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PREFACE  AND  INTRODUCTION 

With  respect  to  bopks  on  "methods  and  costs,"  three  errors  are 
commonly  made  by  those  who  might  profit  from  such  books. 
First,  that  much  of  the  text  is  out  of  date  when  it  is  ten  or  more 
years  old.  ,  Second,  that  published  unit  iPpsf^s,  are  of  little  or  no 
use,  especially  if  wages  and  prices  have  changed  since  the  pub- 
Jjcatipn. .  Third,  that  the  study  of  methods  and  "  tricks  of  the 
trade"  is  npt  a  very  good  mental  training. 

Taking  the  last  of  these  errors  first,  we  .find  that  many  profes- 
sors of  civil  engineering  still  have  a  somewhat  exaggerated  ad- 
miration for  "  general  principles,"  coupled  with  an  equally  exag- 
gerated contempt  for  " practical  details"  as  mental  food  for  their 
students.  Professors  of  mining  engineering  have  erred  in  this 
manner  with  much  less  frequency,  probably  because  their  primary 
aim  has  been  to  train  men  for  managerial  positions  rather  than 
as  designers.  Jt,  was  my  good  fortune  to  take  a  course  in  mining 
engineering  under  Prof.  Henry  S.  Munroe  at  Columbia  Univer- 
sity. Part  of  that  course  consisted  of  lectures  on  the  methods  and 
costs  of  excavation,  followed  by  two  summers  spent  in  mining  in 
Michigan  and  Pennsylvania.  Thus  I  formed  the  habit  of  observ- 
ing, analyzing  and  comparing  excavation  methods  and  costs  under 
varying  conditions.  To  the  formation  of  that  valuable  habit, 
and  an  extension  of  it  to  other  kinds  of  construction  work,  I  owe 
in  large  measure  my  subsequent  success  in  the  field  of  civil  engi- 
neering. I  mention  this  to  indicate,  the  mental- training  value  of 
collecting  and  analyzing  cost  data. 

If  some  professors  of  civil  engineering  are  making  a  mistake  in 
not  training  students  .as  analyst's  of  costs  and  observers  of  meth- 
ods, an  equally  serious  mistake  is  made  by  contractors  and  super- 
intendents of  construction.  These  men  are  justly  proud  of  their 
"practical  knowledge,"  by  which  they  usually  mean  only  the 
knowledge  gained  by  their  own  experience.  They  usually  fail  to 
realize  that  the  experiences  of  hundreds  of  other  men,  just  as 
"practical  "as  they  are,  have  been  recorded  in  print,  often  in  very 
great  detail.  Surely  it  can  not  be  their  contention  that  printed 
information  as  to  money-saving  methods  and  machines  is  useless 
to  "  practical  men  " ;  yet,  were  we  to  judge  merely  by  their  ten- 
dency not  to  read  such  matter,  we  should  conclude  that  among 
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"  practical  men  "  there  is  scant  respect  for  the  printed  page.  I 
prefer  to  think  that  this  seeming  lack  of  respect  is  ascribable 
mainly  to  bad  habits  rather  than  to  illogical  thinking.  "  Prac- 
tical men  "  usually  have  not  formed  the  good  habit  of  systemat- 
ically reading  practical  books  and  articles.  A  few  still  labor 
under  the  delusion  that  there  are  no  such  books  and  articles,  but 
most  of  them  are  habituated  to  field  work,  and  not  at  all  habitu- 
ated to  book  work.  The  trouble  lies  there,  and  the  cure  of  it  — 
if  cure  there  is  to  be  — ^  is  in  the  medicine  that  such  books  as  this 
conta!in.' 

As  to  the  out-of-dateness  of  old  text,  and  particularly  of  old 
cost  data:  Sixteen  years  ago  the  first  edition  of  this  book  was 
published.  I  have  retained  three-fourths  of  that  old  book  in 
this  third  edition,  yet  most  of  the  matter  in  that  first  edition 
was  fully  ten  years  old  when  the  first  edition  was  printed.  As 
one  example,  I  have  used  cost  data  published  by  Elwood  Morris 
in  1841,  because  neither  the  tools  (drag  scrapers)  nor  the  methods 
described  by  him  have  changed  materially.  In  another  instance, 
and  for  a  similar  reason,  I  have  referred  to  cost  data  published 
by  George  J.  Specht  in  1885;  his  data  related  to  fresno  scraper 
work,  and  are  as  useful  today  as  they  were  35  years  ago. 

In  spite  of  the  fact  that  new  machines  and  improved  methods 
are  constantly  being  introduced,  old  devices  and  methods  fre- 
quently continue  to  be  economic  under  certain  conditions^  The 
Chinese  are  credited  with  the  invention  of  the  wheelbarrow  count- 
less centuries  ago,  yet  it  remains  a  useful  tool  to  this  day.  I 
venture  to  say  that  if  we  were  to  find  ancient  but  complete  Chi- 
nese cost  data  on  shoveling  and  wheeling  earth,  we  could  apply 
those  data  -now.  Yet  common  labor  wage  rates  in  China  might 
have  been  only  a  twentieth  or  a  thittieth  of '  what  they  are  in 
America  today.  The  point  that  I  wish  to  make  is  this :  Complete 
and  well-analyzed  cost  data  contain  the  number  of  hours  or  days 
work  per  unit  (such  as  the  cubic  yard)  of  work  done,  together 
with  a  statement  of  conditions.  Hence  any  change  in  wage  rates 
does  not  destroy  the  value  of  such  cost  data,  for  it  is  a  simple 
matter  to  substitute  existing  wage  rates  and  calctilate  the  present 
cost. 

In  the  preface  of  the  first  edition  I  said : 

''  There  are  few  engineering  works  of  magnitude  that  do  not 
involve  the  excavation  of  earth.  Indeed,  the  cost  of  earthwork 
forms  one  of  the  greatest  of  cost  items  in  canal,  in  reservoir  and 
in  railway  construction,  nor  is' it  an  inconsiderable  item  in  the 
construction  of  roads;  sewers  or  water  works.  What  will  this 
excavation  cost?  This  is  a  question  that  the  engineer  first  asks 
himself   in   making  his   preliminary   estimates.     Later   the   same 
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question  confronts  the  contractor.  To  the  engineer  an  erroneous 
answer  may  mean  loss  of  reputation;  to  the  contractor  it  as-- 
suredly  means  ruin  where  tlie  work  is  extensive.  A  glance  at  the 
wide  range  in  contract  bids  for  most  earthwork  jobs  will  convince 
any  one  that  few  contractors  do  more  than  guess  at  costs.  While 
the  numberless  engineering  structures  that  have  cost  more  than 
the  preliminary  estimates  prove  quite  as  conclusively  that  engi- 
neers too  often  guess  also. 

"  In  this  the  first  published  volume  treating  of  earth  economics 
in  a  comprehensive  way,  I  have  given  all  that  my  own  notes  could 
furnish  and  all  that  I  have  found  in  print  in  American  technical 
literature.  But  I  have  not  confined  the  exposition  to  a  bare  re- 
cital of  facts  and  figures,  since  the  principal  aim  has  been  to 
outline  rational  methods  and  rules  to  be  used  in  cost  calculation." 

Shortly  after  the  first  edition  was  published,  a  non-technical 
friend. remarked:  "  I  am  amazed  at  your  being  able  to  find  enough 
matter  to  fill  200  pages  on  dirt."  Whether  his  amazement  would 
now  be  six-fold  as  great  as  then,  one  can  but  guess.  His  surprise, 
however,  is  typical  of  that  of  almost  every  non-technioal  man  on 
first  looking  into  the  literature  of  a  narrowly  technical  subject 
like  earthwork.  I  could  easily  have  doubled  the  size  of  this  book, 
without  going  outside  the  best  articles  that  have  been  published 
during  the  last  thirteen  and  one-half  years  in  Engineering  and 
Contracting  under  my  editorial  direction.  But  the  limited  de- 
mand for  expensive,'  large  books  of  this  character  necessitates  a 
restriction  in  size.  However,  quite  a  complete  bibliography  is 
given  at  the  end  of  each  chapter,  by  which  readers  may  be  guided 
to  many  excellent  articles  on  earthwork  not  abstracted  in  this 
book. 

For  assistance  in  abstracting  articles  and  compiling  data  for 
this  book,  I  wish  to  acknowledge  my  indebtedness  to  Arthur  P. 
Ackerman  and  H.  C.  Lyons. 

Halbebt  p.  Gillette. 

Chicago,  111.,  Feb.  23,  1920. 


TABLE  OF  CONTENTS 


CHAPTEB  PAGES 

I    Properties  of  Earth  .,     .     .  1-18 

Kinds  of  Earth,  1 ;  Weight  pf  Soils,  4 ;  Voids  in  Dry  Earth, 
5 ;  Frost  Penetration,  6 ;  Angle  of  Repose,  7 ;  Greatest  Height 
of  Vertical  Bank,  7;  Shrinkage,  8;  Swelling  of  Newly  Ex- 
cavated Material,  10 ;  Effect  of  Water  on  Clay  Shrinkage,  13 ; 
Shrinkage  of  Rolled  Earth  Embankment,  14;  Summary,  17; 
Bibliography,   18. 

II    Measurement,    Classification   and   Cost   Esti- 
mating     ...  .      .  ...  19-40 

Earthwork  Definitions,  19 ;  Measurement,  22 ;  Legality  of 
Methods  of  Calculating  Earthwork,  23;  Classification  of  Ex- 
cavation, 25 ;  Specifications  for  Classification  of  Excavation, 
26;  A  Classification  According  to  Difficulty  of  Picking,  27; 
Railway  Specifications  for  Classifications,  29;  The  Am.  Ry. 
Eng.  and  Manit.  W.  Asso.  Classification,  37;  Factors  Affecting 
Cost  of  Earthwork,  37;  Bibliography,  40. 

III  Boeing  and  Sounding  ....  ...        41-84 

Prospecting  or  Testing  Earth,  41;  Importance  of  Prospect- 
ing Excavations,  '41 ;  Sounding,  42 ;  De^'ices  for  Sounding 
and  Sampling,  42 ;  Wash  Borings,  46 ;  Rigs  for  Wash  Bor- 
ings, 46 ;  Examples  of  Cost  of  Wash  Borings,  52 ;  Instruc- 
tions for  Inspectors  on  Wash  Boring,  Catskill  Aqueduct,  61; 
Boring  with  Augers,  64;  Auger  Boring  Devices,  64;  Auger 
Boring  Costs,  69 ;  Auger  Boring  with  Empire  Drill,  76 ;  Post- 
Hole  Diggers,  80;  Cable  Drills,  81;  Test  Pitting,  83;  Test 
Trenches,    83;   Bibliography,    84. 

IV  Clearing  and  Grubbing   .  .   ,     .      .      .  .      .  85-93 

Factors  in  Clearing  and  Grubbing  Costs,  85 ;  Types  of 
Hoots,  86 ;  Estimating  Costs  of  Clearing  and  Grubbing^  86 ; 
Effects  of  Method  of  Excavation  on  Cost  of  Grubbing,  88 ; 
Loss  of  Material  Due  to  Grubbing,  89 ;  Clearing  and  Grubbing 
Methods,  91 ;  Amount  qf  Dynamite  Used  in  Stump  Blasting, 
91;   Bibliography,   93. 

V    Loosening  and  Shoveling  Earth  ...     94-151 

Methods  of  Loosening  the  Soil,    94;    Cost  of  Picking,   94; 
Shoveling,   96;  Table  of  Coat  of  Digging  and  Shoveling,  97; 
Sizes  of  Hand  Shovels,  98;  Types  of  Shovels,  104;  Cost  Data 
ix 


X  CONTENTS 

CHAPTER  PAGES 

on  Hand  Excavation,  106;  Loosening  and  Shoveling  Sticky 
Clay,  107;  Rating  Table  for  Excavation  vrith  Piek  and  Shovel, 
110;  Examples  of  Cost  of  Hand  Excavation,  115;  Plows  and 
Plowing,  119 ;  Dyn^moineter  Test  on  Plows,  123 ;  Traction 
Plowing,  124;  Loosening  with  Explosives,!' 126 ;  Excavating 
Holes  with  Explosives,  128 ;  Ditching  with  Dynamite,  132 ; 
Treatment  of  Frozen  Ground,   140;    Bibliography,    151. 

VI  Spreading,  Trimming  and  Rolling  Earth  ;  1^2-164 
Spreading,  152;  Surfacing  and  Dressing  Earthwork,  153; 
Trimming,  154;  Trimming  and  Seeding  Slopes,  156;  Ram- 
ming and  Rolling,  157;  Sprinkling,  157;  Smoothing  and 
Leveling  Farm  Land,  159 ;  Smoothing  Devices  Used  in  Pre- 
paring  Land   for   Irrigation,    160 ;    Bibliography,    164. 

VII     Hauling    in    Barrows,    Carts,    Wagons,    and 

Trucks  .  165-229 

Lead  and  Haul,  165;  Types  of  Wheelbarrows,  168;  Ca- 
pacity "of  Wheelbarrows,  169 ;  Examples  of  AVheelbarrow 
Work,  170;  Station  Work  on  a  Railway  Embankment,  173; 
Carte,  175;  Cost  with  Carts,  177;  Examples  of  Work  with 
Carts,  178;  T.vpes  of  Wagons,  179;  Duinp  Boxes,  182^ 
Wagon  Work,  184;  Rule  for  Cost  of  Work  with  Wagons, 
186 ;  Work  of  Teams,  187 ;  Use  of  Snatch  Teams,  188 ;  Mov- 
able Hopper  for  Excavated  Material,  190 ;  Car  Side  Wagon 
Loaders,  192;  Example  of  Wagon  Work,  197;  Traps  for 
Loading  Wagons,  199 ;  Handling  Teams  with  a  Jerk  Line, 
208;  Wagon  Train  Haulage  with  Motor  Trucks,  210;  Types 
of  Tractors,  215;  Analysis  of  Hauling  Costs,  224;  iBibli- 
ography,  229. 

VIII    Methods  and  Costs  with  Elevating  Graders 

AND  Wagon  Loaders  230-249 

Rule  for  Cast  with  Elevating  Grader,  231; "  Widening 
Wheels  of  Graders  for  Work  Over  Soft  Ground,  234;  Method 
of  Using  Elevating  Graders  on  Earth  Roads,  234;  Examples 
of  Elevating  Grader  Work.  235;  Tractors  for  Pulling  Grad- 
ers, 243;  Various  Types  of  Wagon  Loaders,  244;  Bibli- 
ography;   249.  ■,       . 

IX     Methods     and     Costs     with     Scrapers     and 

Graders  ...  .      .   250-334 

Buck  Scrapers,  250;  Drag  Scrapers,  254;  Examples  Drag 
Scraper  Work,  256;  Pushing  Scrapers,  259;  Fresno  Scraper, 
261;  Examples  of  Fresno  Scraper  Work,  264;  Wheel 
Scrapers,  274;  Hints  on  Handling  Wheelers,  277;  Examples 
of  Wheel  Scraper  Work,  280;  Economic  Handling  of  Earth 
in  Wheel  and  Fresno  Scrapers,  300 ;  Doubletrees  and  Eveners, 
306,    307 ;    Bonus   System  on   Scraper  Work,    308 ;    Keeping 


COiJTENTS  xi 

CHAPTER  PAGES 

Cost  of  Scraper  Work,  310;  Four  Wheel  Serapersy  312;  Ex- 
amples of  Work  and  Costs  with  Four  Wheel  gcrapers,  317; 
Boad  Graders,  320;  Smoothing' ,  Machines,  322;  Examples  of 
Work  with  Eoad  Graders,  323;  Tractor  Grading,  327;  Earth 
Moving  Methods  and  Equipment  for  Boad  Construction,,  331 ; 
Bibliography,   334 

X    Methods  and  Costs  with  Cabs         ,  .  .     .     .  335-386 

Geiieral  Type^  of  Contractor'^  Cars,  335;  Traok  Throwing 
Car,  339;  Switch  for  Narrow  Gauge  Tracks,  339;  Use  of 
Cars,  341;  Cars  Moved  by  jHand,  344;  Horse  Drawn  Cars, 
345 ;  Eule  for  Cost  of  Work  with  Cars,  346 ;  Comparatiye 
Cost  with  Wheelers  and  Cars,  347 ;  Motor  Truck  Hauling  In- 
dustrial Bailway  Cars,  348;  Hauling  with  Dinkeys,  349 
Types  of ,  Light  Locomptives,  352;  Resistance  to  Boiling  Fric- 
tion, 352 ;  Water  and  Fuel  Consumption  of  Locomotives,  354 
Examples  of  Cost  with  Horse  Drawn  Cars,  356 ;  Examples  of 
Hauling  Costs  with  Dinkeys,  358;  Hauling  with  Gasoline  , 
Mine  Locomotives,  363 ;  Mine  Haulage  with  Mules  and  Elec- 
tric Locomotives,  364;  Central-Control  Electric  Car  Haulage, 
366;  Oars  Hauled  by  Cables,  368;  Life  of  Cable  on  Engine 
Incline,  372;  Car  Unloaders,  372;  Method  of  Handling  TJn- 
loader  Plow  'Cables,  375';  Becommendations  for  Using  Cars 
on  Steam  Shovel  Work;  376;  Lloyd  Unloading  Machine,'  378; 
Comparative  COst  of  Hauling  Earth  in  Flat  and  Dump  Cars, 
381 ;  Unloading  Cars  to  Bins  in  Small  Space,  382 ;  Unload- 
ing Cars  by  Sluicing,  384;  Spreaders,  884;  Cost  of  Spread- 
ing with  Jordan   Spreader,    385;    Bibliography,    386. 

XI    Methods  and  Costs  With   Steam  and  Elec- 

TBic   Shovels    ....  .   387-557 

Types  of  Shovels,  387;  How  to  Handle  Steam  Shovel  Plant, 
•'  '387;  Widening  Bailway  Cuts,  389;  Cutting  Down  BailWay  '  ' 
Grades,  391;  Bailway  Construction  Work,  394;  Canal'  Ex- 
cavation, 396;  Analysis  of  Costs  of  Steam  Shovel  Work,  400, 
40)3;  Bepair^  to  Steam  Shovels,  Cars,  and  Locomotives  on  the 
I^anama  Canal,  413  ;  Prices  of  Standard  Bailway  Shovels,  418 ; 
Steam  Shovel ,  Dippers  and  Dipper  Trips,  420 ;  Rail  Clamps, 
424;  Specifications  for  Steam  Shovel  Construction,  428;  Rec- 
ommended Practice  in  Steam  Shovel  0|)eration,  430;  Man-' 
agement'  of  Steam  Shovel  Work  434;  Brief  Examples 
of  Steam  Shovel  Work,  Time  Study  Costs,  440-466; 
Hints  on  Steam  Shovel  Work,  466;  Moving  Steam  Shovels, 
472 ;  Examples  of  Cost  Work,  with  Standard  Bailway  Shovels, 
474;  Non-Bevolving  Traction  Shovels,  507;  Examples  of  Cost 
of  Work  with  Non-Bevolving,  ;Traction  Shovels,  508;  Large 
Bevolving  Shovels,  510;  Bailroad  Ditchers  and  Locomotive 
Crane  Shovels,  5t^;  Handling  M-aterial  with  Double  Ditcher 
Train,  515;  Small  Revolving  Shovels,  516;  Examples  of  Cost 
of  Work  with  Small  Bevolving  Shovels,  519;  Electrically  Oper- 


xii  CONTENTS 

CHAPTEE  PAGES 

ated  Shovels,  541;  Comparison  of  Steam  and  Electrically  Op- 
erated Shovels,  543  ;  Power  Consumption  of  Electric  Shovels, 
545 ;  Examples  of  Cost  of  Work  with  Electric  Shovels,  547 ; 
Excavating  Machines  of  the  Steam  Shovel  Type,  554;  Bibli- 
ography,' 557. 

XII    Methods  and  Costs  with  Grab  Buckets  and 

Dump   Buckets  .  .   558-574 

Classification  of  Buckets,  558 ;  Skips,  558 ;  Foundation  Ex- 
cavation with  Derricks  and  Car  Bodies,  559 ;  Trunion  Buck-, 
ets  Loading  Wagons  through  a  Hopper,  560 ;  Bottom  Dump 
Buckets,  565;  Three  Types' of  Buckets  on  Sewer  Work,  565; 
Orange-Peel  Buckets,  567;  Examples  of  Cost  of  Work  with 
Orange-Peei  Buckets,  568;  Clam  Shell  Buckets,  570;  Ex- 
amples of  Cost  of  Work  with  Clam  Shell  Buckets,  571;  Bibli- 
ography,   574. 

XIII  Methods  and  Costs  with  Cableways  and  Con- 

veyors    ....  J.  .  .      .   575-614 

Economic  Use  of  Cablew^ays,  576;  Cableway  Costs,  576; 
Cableway  Systems,  576;  ^Coasting  Cableway,  583;  Balanced, 
Cable  Crane,  585;  Combination  Cableway  and  Derrick,  586; 
Life  of  Main  Cable,  586;  Skip  Dumping  Device,  587;  Drag; 
line  Cableway  Excavators,  588 ;  Cableway  Scraper  Excavators, 
589;  Cost  of  a  Tower  Scraper  Excavator,  594 ;, Examples  of 
Cost  of  Work  with  Cableways,  596 ;  Dragline  Cableway  on 
Levee  Work,  603  ;  Belt  Conveyors,  603  ;  Capacity  of  Belt  Con- 
veyor, 604;  Life  of  Belt  Conveyor,  604;  Examples  of  Cost  of 
Work  with  Belt  Conveyors,  605 ;  Bucket  Conveyors,  613 ; 
Bibliography,  614. 

XIV  Methods  and  Costs  with  Dragline  Sckapers  615-668 

Bottomless  Power  Scrapers,  615;  Overburden  Stripping- 
with  Bottomless  Bucket,  616 ;  Power  Scraper  and  Wagon 
Loader,  619 ;  Leveling  .  Ground  with  Power  Scraper,  62'3 ; 
Loading  Wheel  Scrapers  with  an  Engine,  627;  Walking' and 
Caterpillar  Traction  for  Draglines,  633  ;  Dredging  Gravel  with 
a  Weeks  Bucket,  639 ;  Dragline  Excavator  Buckets,  643 ; 
Planking  for  Dragline  Work  over  Soft  Ground,  645;  Ex- 
amples of  Cost  of  Work  with  Dragline  Excavators,  64^;  Elec- 
tric Dragline  Excavators,  657;  Steam  and  Electric  Draglines 
on  N.  T.  Barge  Canal,  662 ;  Examples  of  Cost  of  Work  with 
Electric  Draglines,   663;   Bibliography,   668. 

XV    Methods  AND  Costs  OP  Dredging        .     .     .        669-765 

Classification  of  Dredges,  669 ;  Capacities  of  Dredges,  669 ; 
Cost  per  Ton  of  Dredge  Construction,  669 ;  Relative  Merits  of 
Different    Types     of     Dredges,     Selecting    a     Dredge,     671; 


CONTENTS  xiii 

CHAPTER  tVoES' 

American  and '  European  Practice  Compared  witli  Eegarc  to 
Dredging',  677';  Government  Dredging  vsv  Contract  Dredging, 
677;  Buclcet  Dredges,  678;  Storage  Drum  for  Dredge  Cable, 
681;  Examples  of  Cost' of  Work  ' with  Clam  Shell  Dredges, 
681;  Exam-pies  of  Cost  of  Worlc  with  Orange-Peel  Dredges,' 
685 :  Dipper  Dredges,  686 ;  Conditions  Favorable  to  the  Dip- 
per Dredge,  688;  Cost  of  a  Dipper  Dredge,  688;  Aligninga 
Dredge  in  'a '  Canal,  690;  Dredging  with  Steam  Shovel 
Mounted  on- Hull,  693  ;  Hydraulic  Jet  Equipment  for  Leveling 
Spoil  Banks,  695 ;  Examples  of  Cost  Of  "Work  with  Dipper 
Dredges,  667;  Ladder  Dredges,' 704;  Dredging  Silt  Bars  with 
Ladder  Dredge,  705;  Trestle  Filling  with  Ladder  Dredge, 
708 ;  Examples  of  Cost  of  Work  with  Ladder  Dredges,  709 ; 
Gold  Dredges,  718;  Hydraulic  Suction  Dredges,  718;  Float- 
ing Pipe  Line,  720 ;  Depth  at  which  Suction  Dredge  Can 
Work,  721;  Hydraulic  Pipe  Line  Dredge  Compared  to  Clam 
Shell  Dredge,  721 ;  Examples  of  Cost  of  Work  with  Sea  Going  ■ 
Hopper  Dredges,  724;  Exaibples  of  Cost  of  Work  with  Hy- 
draulic Pipe  Line  Dredges,  733;  Cost,  Life,  and  Repairs  of 
Barges,  Tow-boats  and  Dredges,  753  ;  Cost  of  Year's  Opera- 
tion of  Marine  PlanjJ  for  Construction  of  Lincoln  Park 
Extension,   Chicago,    759 ;    Bibliography,   764. 


XVI    Methods  and  Cost  of  Trenching     .    ,,.    ..     .  766-902 

Definitions  of  trench  and  ddleh,  766 ;  Trench  Exca'vation  by  ■ 
.Hand,  767 ;  Examples  of  Cost  of  Trenching  by  Hand,  772 ; 
Trenching'  for  Tile  .  Drains,  775 ;  Derricks)  and  Locomotive 
Cranes  on  Trench  Work,  778 ;  Examples  of  Cost  of  Trenching 
with  Derricks,  •  779 ;  Examples  of  Cost  of  Trenching  with 
Orange-Peel  and  Clam  Shell  Buckets,  783;  Trenching  -with 
Dragline  Excavator,  786 ;  Trenching  with  Steam  Shovels, 
786 ;  -Examples  of  Cost  of  Work  with  Steam  Shovels,  795 ; 
Trenching'  with  Special  Machines,  807 ;  Examples  of  Cost  with  ■ 
Carson  Trench  Machine,  810;  Examples  of  Cost  with  Potter 
Trenching  Machine,  813;  The  Moore  Trench  Machine,  818; 
The  Parsons  Trench  Excavator,  821;  P.  &  H.  Trench  Ex- 
cavators, 825;  Examples  of  Cost  of  Work  with  P. '&  H. 
Trench  Excavators,  827;  Examples  of  iCost  with  Austin 
Trench  Excavators,  833 ;  The  Buckeye  Traction  Ditcher,  839 ; 
Cost  of  Work  with  Buckeye  Traction  Ditcher,  839;  The  Hov- 
land  Tile  Ditcher,  843 ;,  Trench  Excavating  by  Hydraulickiug, 
845;  Methods  of  Sheeting  and  Bracing,  846 ;_  Examples  of 
Cost  of  iSheeting,  853;  Methods  and  Costs  of  Trench  Pump- 
ing, 862;  Examples  of  Cost  of.  Pumping,  863;  Treatment  of 
Quicksand,  868;  Bleeding  Wet  $and,  870;  Backfilling 
Trenches,  884;  Methods  and  Costs  of  Backfilling,  887;  Baqk- 
filling  Machines,  892;  Puddling  i^ac'kfill,  896;  Qost  of  B^ck-, 
filling  and  Tamping,  897;  Tamping  Machine,  899;  EoUing 
Backfill,   901;   Bibliography,   902. 


xiv  CONTJINTS 

CHAPTEE  PAGES 

XVII    Ditches  and  Canals        903-1003 

Types  of  Ditches,  903 ;  Beducing  the  Cost  of  Drainage 
Excaration,  905;  Special  Ditching  Machines,  909;  Examples 
of  Cost  of  Operating  Wheel  Type  Excavators,  910;  Tem- 
plate Excavators,  915;  Walking  or  Land  Dredges,  921; 
Ditching  with  Capstan  Plows,  927;  Ditching  by  Explosives, 
933;  Ditch  Excavation  hy  Scrapers,  937;  Examples  of  Cost 
of  Irrigation  Canals,  938 ;  Use  of  Elevating  Graders  in 
Ditching,  947 ;  Examples  of  Ditching  with  Dragline  Exca- 
vators, 950;  Floating  Dredges  for  Ditching,  954;  Cutting  % 
to  1  slopes  ivith  a  Dipper  Dredge,  956;  Ditch  Excavation  by 
Natural  Erosion,  962;  Railroad  Ditchti,  965;  Examples  of 
Use  of  Railway  Ditchers,  966;  Ditching  with  Electrically  Op- 
erated Railway  Ditcher,  969 ;  Highway  Ditches,  972 ;  Gopher 
Ditcher,  973;  Maintenance  of  Ditches  and  Canals,  974; 
Grades  Required  for  Self-Cleaning  Ditches,  975;  Combat- 
ing Weeds  Along  Irrigation  Canals,  977;  Navigable  Canals, 
980;  The  Chicago  Drainage  Canal,  981;  New  York  State 
Barge  Canal  Work,  986 ;  Work  on  North  Shore  Channel,  Chi- 
cago, 994 ;  Cost  of  Excavation  on  Colbert  Shoals  Canal,  Ala., 
1001;    Bibliography,    1003. 

XVIII  Hydkaulio  Excavation  and  Sluicing  .  1004-1086 
Methods  of  Hydraulic  Excavation,  1004;  Hydraulic  Giants, 
1004;  Bed-Rock  Sluices,  1004;  Carrying  Capacity  of  Water, 
1005 ;  Volume  of  Water  for  Hydraulicking,  1009 ;  Ditches 
and  Plumes,  1009 ;  Hydraulic  Elevator  Work  in  Alaska,  • 
1013;  Pipe  lines  for  Hydraulic  Mining,  1016;  Simple  Tim- 
ber Flume,  1019;  Sluicing  Sand  and  Gravel  in  Steel-lined 
Flumes,  1023;  Methods  of  Working  Placer  Gravel,  1026; 
Range  of  Cost  of  Hydraulic  Mining,  1032;  Grading  River 
Banks  with  Water  Jet,  1036 ;  Stripping  Gravel  Pits  by  Hy- 
draulic Methods,  1038 ;  Stripping  Shale  Fits,  1043 ;  Removing 
a  Land  Slide  by  Hydraulic  Jetting,  1048;  Excavating  a 
Canal  by  Hydraulicking,  1050;  Hydraulic  Pills  on  Railway 
Trestles,  1051;  The  Sheerboard  Method  of  Retaining  Wet 
Earth,  1056;  Hydraulic  Methods  of  Building  Dams,  1058; 
Hydraulic  Grading  of  Westover  Terraces,  Portland  Ore.,  1075 
The  Denny  Hill  Regrade,  Seattle,   1081;  Bibliography,  1086. 

XIX     Road  and  Railboad  Embankmetnts  1087-1146 

Method  of  Determining  Subsidence  tad  Shrinkage,  1088 ; 
Tamping  Roller  for  Embankments,  1090;  Road  Work  with 
Power  Machiiiery,  1091;  Road  Embankments  over  Marshy 
Ground,  1092 ;  Compression  of  Marsh  Soil,  1098 ;  Railway 
Embankments,  1098 ;  Subsidence  Investigations  of  Railway 
Embankments,  1099;  Temporary  Trestles,  1102;  Movable 
Trestles  for  Bank  Construction,  1105 ;  Suspension  Bridge 
Trestles,  1106;  Dragline  Excavators  for  Railway  Grading, 
1115;     Building     Railway     Embankments     with     Hydraulic 


CONTENTS  x<r 

CHAPTEE  PAGES 

Dredges,  1116;  Pilling  Trestles  by  Sluicing,  1119;  Support- 
ing Construction  Track  on  Ice,  1120;  Placing  Railroad  Pill 
from  Floating  Trestle,  1121;  Cost  of  Widening  Embank- 
ments, 1123 ;  Cost  of  Transporting  Men,  Tools  and  Supplies 
for  Railway  Grading,  1130;  Cost  of  Railway  Grading  by 
Steam  Shovel,  1132;  Cost  of  Raising  a  Railway  Embank- 
ment, 1136;  Manner  of  Pilling  a  75  Ft.  Trestle,  1139;  Drag 
and  Wheel  Scraper  Work  on  North  Carolina  Railway,  1140 ; 
Bibliography,    1145. 

XX    Design  and  Constbuction  of  Eabth  Dams  .   U47-1246 

Design  of  Earth  Dams,  General  Considerations,  1147;  Per- 
meability of  Concrete  and  Puddle  Walls  in  Earth  Dams, 
1151 ;  Examples  of  Types  of  Earth  Dams,  1152 ;  Determining 
the  Percolation  Factor,  1163;  Shrinkage  of  Earth  in  Dam, 
1164;  The  Tabeaud  Dam,  1165;  Use  of  Goats  for  Com- 
pacting Puddle,  1170;  Earth  Dam  Compacted  by  Irrigation 
Flooding,  1171;  Elevating  Graders  on  the  Stanley  Lake  Dam, 
1173;  Embankment  for  an  Oil-Storage  Reservoir,  1175; 
Rolling  Reservoir  Embankment  Slopes,  117S;  Cost  of  Em- 
bankment and  Puddle  for  a  Settling  Basin,  1181;  Earth  Dam 
at  Springfield,  Mass.,  1182;  Belle  Pourche  Dam,  Excavating 
Methods  and  Costs,  1191;  Cold  Springs  Earth  Dam,  Oregon, 
1197;  Construction  of  the  Kachess  Lake  Dam,  1202;  Con- 
structing Embankment  for  Hill  View  Reservoir,  N.  Y.,  1206 ; 
Dams  of  Boulder  Pilled  Wire  Baskets,  1208;  Temporary  Hy- 
draulic Fill  Dam  Across  the  Colorado  River,  1210;  Cost  of 
Earth  Embankment  with  Gravel  Pacing,  1213 ;  Placing  Pud- 
dle in  a  Cofferdam  by  Pumping,  1215;  Embankment  for  the 
Yale  Bowl,  1217;  Hydraulic  Fill  Dams,  1220;  Hydraulick- 
ing  the  ConcuUy  Dam,  1221;  Hydraulicking  the  Bear  Creek 
Dam,  1227;  Dam  Construction  by  Cars  and  Hydraulicking, 
123f ;  Examples  of  Other  Dams  Built  by  Hydraulicking, 
1218;   Accidents  to  Earth  Dams,   1243;   Bibliography,   1245. 

XXI     Dikes  and  Levees     .      .  .  ...    1247-1275 

The  Location  of  Levees,  1247;  Design  of  Dikes  for  Salt 
March  Reclamation,  1248;  Levee  Sections  on  the  Mississippi 
and  Sacramento  Rivers,  1249 ;  Enlarging  and  Slope  Walling 
a  Levee  on  the  Wabash  River,  1251;  Levee  Construction 
by  Dragline  Excavators,  Little  River  Drainage  District,  Mo., 
1252;  Levee  Construction  in  Texas  with  Draglines,  1254; 
Machines  for  Building  Levees,  1255;  Building  Levees  with 
Hydraulic  Dredge,  1262 ;  Sand  Core  Levees  in  California, 
1272;    Bibliography,    1275. 

XXII    Slips  and  Slides  1276-1327 

General  Discussion,  1276;  The  Cause  and  Cure  of  Slides, 
1277;  Land  Slide  at  Mount  Vernon,   1279;  Extensive  Earth 


xyi  CONTENTS 

CHAPTEB  PAGES 

Slip  Near  Hudson,  N.  Y.,  1279;  Land  Slide  at  Bulls  Bridge 
Hydro-Electric  Plant,  1280 ;  Remarkable  Land  Slide  at  Port- 
land, Oregon,  1284;  Treatment  of  Railway  Slides,  1288; 
Preventing  Slips  on  Railways,  1290;  Drainage  Tunnel  to 
Stop' Sliding  Clay,  1292 ;  Treatment  of  a  Wet  Cut,  1294; 
A  Scoop  Car  for  Handling  Railway  Slides,  1297;  Holding 
Slides'by  Piles,  13bO;  Stopping  a  Slide  by 'the  Use  of  Ex- 
plosives, 1305 ;' European  Railway  Practice  for  the  Preven- 
tioii  of  S'.ides,  1306;  Stopping  Slips  on  ,  the  Nottingham  and 
Melton  Ry.,  1321;  Improving  Sliding  Material  by  Burning, 
1323 ;  The  Drainage  of  a  German  Railway  Embankment, 
1325;    Bibliog'raphy,    1327. 


CHAPTER  I 

PROPERTIES  OF  EARTH 

Composition  of  Earth.  Earths  or  soils  are  the  insoluble ,  resi- 
dues from  the  weathering  of  rocks.  Soils  from  whatever  source 
derived  are  mi.xtures  of  sands  and  clays,  and  they  differ  prin,?^- 
pally  in  the  relative  proportions  of  sand  or  siliceous  material 
to  the  clay  or  argillaceous  matter,  and  iji  the  size  of  the  grgiins. 
Residual  soils  are  more  varying  in  composition  than  soils  that 
have  been  transported  by  water.  The  further  and  oftener  a  sojl 
has  been  transported  the  more  complete  the  separation  of  the 
clay  from  the  sand. 

Clay  is  generally  the  result  of  the  decomposition  and  conse- 
quent hydration  of  feldspathic  rocks,  especially  granite  and 
gneiss.  Clays  from  these  sources  usually  contain  more  or  less 
siliceous  material;  and,  if  this  is  separated,  the  residuum  is 
found  to  consist  of  hydrated  silicate  of  alumina  with  more  or 
less  lime,  oxides  of  iron,  magnesia,  and  alkalies.  All  soils  found 
near  the  surface  of  the  earth  contain  more  or  less  organic  matter^. 
Clay  is  often  the  residuum  of  limestone,  t,he  calcite  having  been 
dissolved  and  leached  out.  .  Marly  soils  are  the  remains  of  old 
shell  beds  that  have  decomposed  in  this  way. 

Earths,  therefore,  are  compositions  mainly  of  silica  and  sili- 
cates of  aluminum  and  other  metals. 

Kinds  of  Soils.  Soils  are  sometimes  named  from  the  rock 
from  which  they  have  been  derived;  thus,  a  soil  resulting  from 
decomposition  may  be  a  granite  soil,  limestone  soil,  etc.,  Moiet 
often,  however,  soils  that  have  been  tra,nsported  are  named  after 
the  agencies  involved  in  their  transportjitJLon ;  as  global  soils;  or 
from  their  position,  as  terrace  soils;  or  from  their  characteristics, 
!•  as  sandy  or  clayey  soils. 

The  term  loam  la  usually  applied  to  mixtures  of  sand  and 
clay  containing  organic  matter.  When  the  principal  constitu- 
ents of  a  loam  is  clay  it  is  termed  clayey  loam,  and  when  sand 
predominates,  sandy  loam. 

Many  local  terms  are  applied  to  soils,  and  there  is  much  varia- 
tion in  the  use  of  earth  and  soil  nomenclature,  thus  clay  is. 
called  gumbo. 

Some  of  the  terms  applied  to  earth  aipid  soils  by  writers  on 
earthwork  are  as  follows: 

Adobe  is  the  name  given  to  a  calcareous  clay  of  a  general 
gray  brown  or  yellowish  color,  very  fine  grained  and  porous. 
This  material  forms  the  soil  of  a  large ,  portion  of  the  rainless 
region  of  the  United  States  in  Colorado,  Utah,  Nevada,  Southern 
California,  Arizona,  New  Mexico,  and  Western  Texas.  It  is. 
derived  from  the  waste  of  surrounding  mountain  slopes.  ■ 
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Alluvial  Soil  is  river-borne  material  consisting  of  mixtures  of 
sand  and  clay  in  varying  degrees  of  fineness.  It  is  usually  loose 
in  texture. 

Black-waaiy  is  a  term  applied  to  certain  very  fertile  soils  in 
Texas.  They  are  a  mixture  of  clay  and  orgaific  matter,  black  in 
color  and  heavy'  to  vcork. 

Buch  Shot  Clay  is  a  clay  containing  small  concretions 
cemented  with  calcareous  or  ferrous  material.  These  are  about 
the  size  of  buck- shot. 

Bull-Liver  is  a  term  applied  to  a  mixture  of  very  fine  sand, 
pulverized  limestone  and  vfater,  encountered  in  the  excavations 
for  the  Chicago  Drainage  Canal.  (E.  E.  Shanable,  in  Trans. 
Asso.  Eng.  Soe.,  June,  1895.)  This  material  vi^hen  in  place  was 
very  tough  and  difBcult  to  excavate. 

Catlinite,  or  Indian  pipe  stone,  is  an  indurated  clay  found  in 
the  Dakotas. 

Clay  is  a  mixture  of  finely  divided  silicates  of  aluminum,  iron, 
magnesium,  calcium,  and  other  metals.  It  seldom  occurs  without 
a  small  percentage  of  sand  which  has  a  greater  effect  on  its 
characteristics  than   its  chemical  composition. 

Glacial  Soil,  is  an  uneven  mixture  of  clay,  sand,  gravel  and 
boulders,  carried  and  deposited  by  prehistoric  glaciers.  It  is 
usually  loose  in  texture  but  is  sometimes  very  tough  and  even 
cemented. 

Gravel  is  any  soil  which  Is  composed  chiefly  of  small  stones. 
No  definite  line  can  be  drawn  between  sand,  gravel,  and  boulders; 
but,  iri  general,  material  passing  a  %-in.  screen  would  be  counted 
sstnd,  and  stones  too  large  to  handle  on  a  hand  shovel  would  be 
called  bo  'Idefs.  Pure  gravel  is  loose  in  texture  and  easy  to  work. 
It  often  occurs  with  such  a  mixture  of  finer  materials  that  each  * 
stone  is  tightly  embedded.  In  this  condition  it  will  "require 
picking. 

Giimbo  is  a  fine  clay.  It  is  extremely  sticky  and  difficult  to 
handle  when  wet. 

Hardpan  is  the  term  applied  to  any  extremely  compact  soil 
that  is  difficult  of  excavation.  Geologically  it  is  rock  in  the 
process  of  formation.  It  may  be  a  clay  that  has  become  hardened 
by  heat  or  pressure,  or  an  incipient  shale,  or  a  sand  or  gravel 
that  has  been  partially  cemented  by  small  amounts  of  iron 
oxide  or  carbonate  of  lime.  Glacial  deposits,  consisting  as  they 
often  do  of  nests  of  large  size  gravel  and  boulders  in  dense  sandy 
clay  beds,  are  often  spoken  of  £is  hardpan.  Most  hardpans  do 
not  soften  under  the  action  of  water  when  first  taken  out  of 
the  p't,  li'it  after  being  exposed  to  the  air  until  dry  they  crumble 
rapid  y  i    io  iriiliute  frpgments  when  submerged. 


PROPERTIES  OF  EARTH  3 

Kaolin  is  pure  aluminum  silicate.  Deposits  of  relative  purity 
are  worked  for  potters'  clay. 

Laterite  is  a  red  furruginous  residual  clay  found  in  tropic  and 
semi-tropic  regions. 

Loam,  is  a  mixture  of  sand  and  clay  containing  organic  matter. 
It  exists  practically  everywhere  as  the  top  soil  which  supports 
vegetation. 

Loess  is  a  clay,  similar  to  adobe  covering  wide  areas  in  the 
Mississippi  Valley.     It  is  in  general  wind-borne  material. 

Marl  is  a  clay  containing  much  calcium  carbonate,  the  result 
of  the  decomposition  of.  old  shell  beds. 

Muck  is  a  term  applied  to  a  variety  of  material.  Thus  in 
tunneling  and  many  other  forms  of  excavation  the  excavated 
material  is  called  muck.  The  term  is  best  applied  to  the  slimy 
mud  from  pond  bottoms  and  to  similar  material. 

Muskeg  is  the  mixture  of  mud,  peat,  and  moss  that  occurs 
in  wide  areas  in  the  swamps  of  Canada  and  northern  United 
States. 

Peat  is  decayed  vegetable  matter.  Geologically  it  is  coal  in 
process  of  formation.  It  is  light  when  dried,  but  always  occurs 
in  a  water  soaked  condition. 

Quicksand  has  been  defined  as  a  mixture  of  fine  sand  with 
such  proportions  of  clay  and  loam  as  will  enable  the  mass  to 
retain  water.  The  true  quicksand,  however,  is  an  argillaceous 
material  containing  little  or  no  silica  or  grit,  and.  is  usually 
leaden  in  color  in  its  natural,  water  soaked  state,  and  mainly 
white  when  thoroughly  deprived  of  water.  This  material  .when 
wet  and  trampled  upon  begins  to  quake;  it  is  therefore  often 
called  quakesand.  If  after  having  reached  a  condition  v^hesre  it 
quakes,  it  is  left  quiescent  for  a  f^w  hours,  the  particles  settle 
down  and  expel  the  water,  and  it  again  becomes  firm. 

Three  rules  to  be  observed  in  excavating  quicksand  are  as 
follows :  ( 1 )  The  water  inust  be  removed  promptly  and  thor- 
oughly; (2)  the  excavation  must  be  made  with  the  utmost  dis- 
patch; (3)  the  material  must  not  be  disturbed  a,fter  it  begins 
to  quake. 

When  quicksand  is  encountered,  ample  dredging  and  pumping 
facilities  should  be  provided.  The  pumps  should  be  capable  of 
lifting:  sand  as  well  as  water,  and  for  this  reason  pumps  of  the 
steam  siphon,  steam  vacuum,  pulsometer,  or  centrifugal  types 
are  preferable.  The  ability  of  a  pump  to  work  without  beconjing 
clogged  is  of  much  greater  consequence  than  a  high  efficiency  in 
power  consumption. 

When  thoroughly  dry  quicksand  may  be  readily  excavated,  al- 
though at  times  it  becomes  so  hard  as  to  require  picking.     Lumps 
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of  apparently  dry  quicksand  may  be ,  made  "  quick ''  by  the 
agitation  caused  through  handling  or  hauling,  and  become  diffi- 
cult to  remove  from  the  wagons  or  cars  in  which  they  have  ,beep 
loaded. 

Sand  is  any  material  more  finely  divided  than  gravel  and  not 
a  fine  as  clay.  In  general  it  consists  of  silica  or  quartz  in 
very  small  fragments.  The  size,  shape,  and  gradationsi  of  finer 
ncss  of  the  particles  have  an  influence  on  the  characteristics  of 
the  mass. 

Shale  is  clay-  in  process  of  changing  to  rock.  It  is  usually 
soft  and  thinly  stratified  or  laminated. 

Sub-sail  is  the  soil  below  the  top  soil;  generally  the  material 
too  deep  to  be  disturbed  by  ordinary  plowing.  It  is  not  so  finely 
divided  as  the  top  soil  and  does  not  coatain  as  much  organic 
matter. 

Top  Soil  is  the  upper  layer  of  soil  that  is  within  reach  of  ordi- 
nary plowing.  It  is  kept  loose  in  texture  by  the  growth  and 
decay  of  plant  roots. 

Wacke  is  a  compact,  dark  colored  clayey  soil  resulting  froija 
the  decomposition  of  basaltic  rock.  .,.      ,  ,, 

Weight  of  Soils.  Table  I  gives  the  weights  of  soils  according 
to  various  authorities. 

TABLE  I  —  WEIGHT  OF  SOILS 
Clays 
Description  Per  cu.  ft. 

Potters'  clay,   dry  and  solid,   T 119 

Potters'   clay  in  lumps,  T '. 63 

Heavy  clay,  S 75 

Half  sand,  half  clay,  S 96 

Qay,    M. 63 

Gravel 

Pit  gravel,  B. 122 

Gravel  mixed,  .with   clay,   B 155 

Trautwine  says  gravel  weighs  about  the  same  as  sand. 

Loam 

Common  arable  soil,    S 80-90 

Garden  mould  rich  in  vegetable  matter,  S 70 

Arable  soil,    M 75.4 

Old  pasture  soil,  M 65.6' 

Land  100  years  in  grass,  M 69.1 

Common  loam;  perfectly  dry,  loose,  T 72-80 

Common  loam,  perfectly  dry,  shaken,  T 82-92 

Common  loam,  moderately  rammed,  T 90-100 

Mud 

Mud,  dry,  close,  T 80-110 

Mud,  wet,  moderately  pressed,  T 110-130 

Peat 

Peat,  dry,  T 20-30 

Peat  soil,  S 30-50 

Humus    (decayed  vegetable  matter,    H.)    ;. 20.9 
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Sand 

Per  cu.  ft. 

Dry  siliceous  or  calcareous  sands,  S 110 

Quartz  sand,   M 90.3 

Sand,  perfectly  dry,  loose,  T 90-106 

Sand,  perfectly  dry,  shaken,  T 92-110 

Sand,  perfectly  dry,  rammed,  T 100-120 

Sand,  sharp,  very  large  and  very  small  grains  mixed,  T...        117 

Sand,  voids  full  of  water,  ,T 118-120 

Sand,  dry,  B.   80-115 

Shale 

Shale  in  place,  T 162 

Shale  quarried,  T 92 

Authorities.  T.  Trautwine,  B.  Byrne,  "  Inspector's  Pocket 
Book."  M,  Murray,  "  Soils  and  Manures.".  S,  Shubler,  "  Hand- 
book of  the  U.  S.  Dept.  of  Agriculture,"  1893. 

Effect  of  Depth  on  Weight.  In  "  Soils  and  Manures,"  J.  A. 
Murray  gives  the  following  table  of  results  obtained  from  trials 
made  at  Rothamsted  in  England:     ' 

Wt.  per  cu.  ft.  Wt.  per  cu.  ft. 

Arable  land  Old  pasture 

"      Top  layer,  9  in.  deep '89.4  71.3 

-;    Second  layer,  9  to  18  in.  deep  ;..... .        93.2  94.8 

Third  layer,  18  to  27  in.  deep  98.4  100.2 

Fourth  layer,  27  to  36  in.  deep  101.4  102.3 

This  is,  of  considerable  interest  from  the  standpoint  of  exca- 
vation. If  we  consider  these  results  as  applied  to  the  excavation 
of  a  36-in.  trench  they  show  that  in  the  arable  land  the  second 
half  of  the  trench  weighs  9.4%  more  than  the  first;  in  the  old 
pasture  the  increase  is  21.9%.  The  increase  in  density  is  of 
course  less  at  greater  depths  but  it  is  a  factor  worth  remem- 
bering. 

Specific  Gravity.  The  specific  gravity  of  the  principal  miner- 
als of  which  soils  are  composed  is:  . 

Quartz     2.65 

Feldspars     2.5-2.7 

Calcareous  minerals' , .  2.7-3.0 

Berause  of  air  spaces  between  the  particles  the  apparent  specific 
gra'vity  of  a  cu.  ft.  of  earth  is  less  than  that  of  the  minerals 
of  which  it  is  composed.  The  range  of  apparent  specific  gravity 
for  the  soils  in  Table  I  is  as  follows: 

Clays    .; 1.01-1.91 

Gravel   1.96 

Loam    0.95-1.44 

Peat      0.32-0.48 

Sand    1.45-1.85 

Shale 2.60 

See  the  author's  "  Handbook  of  Rock  Excavation  "  for  numerous 
data  on  specific  gravity,  voids,  etc. 
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Voids  in  Dry  Earth.    A  mass  of  spheres  all  the  same  size, 

packed  as  closely  as  possible  has  26%  voids  or  inter  spaces;  but 

packed  as  loosely  as  possible  such  a  mass  has  48%   voids.     A 

tumbler  full  oi  bird  shot  has  36%  voids.    Sand  with  rounded 

grams  of  nearly  uniform  size  has  41%  voids  while  crushed  quartz 

sand  of  uniferm.  size  has  55%  voids.    It  is  evident  that  where 

large  grains  and  small  grains  are  mixed  the  percentage  of  voids 

of  the  mass  is  decreased,  but  it  is  not  decreased  to  the  extent 

that  might  be  expected  theoretically.     Thus  when   1    eu.  ft.   of 

coarse  gravel  having  40%  voids  is.. mixed  with   0.4   cu.   ft.   of 

B»n^  Vfe  4<)i,S9t.g?,t,  I,  cu.  ft.  of  gravel  and  sand  tflixture  as  might 

b^  ^jtpecte^.;   In  practice  no  mixture  of  clean  sand  and  gravel 

reduces  the  voids  to  much  less  than  22%.  '  '  ' ' 

.It  is  generally  safe  to  ajsiime  that  pit  sand  or  gravel  has  35 
iQ  40%  voiiia  when  measured  loose.  Loose  sand  of  uniform  size 
having  45%  voids  and  weighing, '85,  lb.  per  cu.  ft.  can  be  com- 
pressed to  36%,  voids  and  96  lb.  per  cu.  ft.  by  saturating  with 
wat,er  anS  rammilk,  Oravel,  however,  will  not  shrink  as  much 
under  the  rammeJ^ebUes  ot  m^  elsS^^^  having  44%  voids 
weighing  84  lb.  p^^lij^^; ,  :^|^^|f  ^  f^^  "t°  ^  ™^ss  weighing 
92  lb.  and  havin|^  '^{[E'  the  weig^^  .mixture  of  gravel 
and  sand  wei^hi^,  WT  "se   and   having   30%o 

voids  can  be  ™'w1"]BE,C'      ,  3J|*i*s  and  weighs   145 

Miirray '  gives  .**eift°»|dto^, 

m  ^^^■■■V  '  Per  cent,  voids 

Looin,   •  ■  ■  ■  ■  ■.■("Tj  "  — 53.i 

l/oam,  oM.iSture   -64.1 

Quartz  sa^'  44.7 

.   .   ;       Humus   .;)„......, 75.0 

Size  of  Particl^f.  it  is  not  known  what  the  ultimate  limit  of 
division  of  eartjmay  be,  but  particles  of  0.0001  mm.  have  been 
measured.      '.^^ 

The  ciie^ diRfence  between  sand  and  clay  is  in  the  size  of 
the,  p^riiVles;  in  .fuddition  l;p  this,  as  i1;he  felspathic  rocks  are 
softer.itfean,  quartz  .jli^ey,  are  apt  to  .become  more  finely  divided 
89 ;tha,t, clays ,fi);ejnia,de  up  largely,  of  this  material.  A  thousand 
miles  down  a  river  froin  their  origin  the  softer  rocks  will  be 
ground  into  clay,  while  the  quartz  will  still  exist  as  fine  sand. 
^iHftieT:  \i\>  tlie  river   sand- eomposed  of   fine   particles   of   the 

&otte  Totv?,  ooM\i.-be  found.  ■■;■;;■:,;:    '  ^ 

^^^^*'' ^*'^*^^»-^^oTi.    The  heat  conductivity   of  a  soil  depends 

Va.t*t^6^*\™'*'  "^"^^^^^a  arid  compactness.     Solid  rocks  conduct 

\,\\v\r\,v'  aiVh*  '^*-^'^*^  ''^  Vfater,  but  when  pulverized  the  con- 

muni\  is  it,^«ieVi'  ij  Iti  •k'pac'es'  and   the   heat 

'Vt  .     .'li-;!,-'-. 
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conductivity  becomes  less  than  that  of  water.  Compacting  and 
wetting  a  soil  increases  its  ability  to  conduct  heat,  while  loosen- 
ing and  drying  has  the  opposite  effect.  Engineering  and  Con- 
tracting, May  8,  1918,  says  that  frost  will  penetrate  to  a  greater 
depth  in  gravel  than  in  clay  when  both  are  saturated  with  water, 
for  water  is  a  better  heat  conductor  than  the  minerals  that 
compose  soils.  In  a  NeAV  England  town  last  winter  frost  pene- 
trated to  a  depth  of  61^  ft.  in  gravel  and  only  3^  ft.  in  clay. 

The  following  values  are  taken  from  a  table  appearing  in 
Engineering  and  Contracting,  June  27,  1917: 

Coefficients  of   Heat   Conductivity    (B.T.U.   per  sq.   ft.   per   hr. 

for  each  degree  difference  in  temperature  on  the  opposite  side  of 

a,  plate  1  in.  thick.) 

Coefficient 
of  heat 
Material  conductivity 

Clay,    tough,    sundried    6.4 

Clay,   soft,    very  wet    9.0 

Sand    2.48 

Sand,  white,  dry  2.70 

Sand,  white,  saturated  with  water  20.30 

Soil,    dry    ...i 0.97 

Soil,   wet   iM 

Engineering  and  Contracting,  Dec.  11,  1918,  quoting  from  a 
report  of  the  Committee  on  Frozen  Water  Mains  of  the  New 
England  Water  Works  Association,  gives  the  following  informa- 
tion in  frost  conditions  encountered  during  the  winter  of  1917-18 
in  various  sections  of  the  country.  Forty-three  cities  reported 
that  frost  was  noted  at  depths  of  6  ft.  or  over.  In  57  cities  the 
average  depth  of  frost  penetration  was  4  ft.  or  over,  while  27 
cities  reported  an  average  depth  of  5  ft.  or  over.  The  greatest 
depth  noted,  9  ft.,  was  at  Duluth  and  St.  Paul,  Minn.  In  the 
first  city  the  penetration  was  in  clay  and  rock  soil;  in  the  second 
it  was  in  sand  and  gravel.  At  St.  Paul  the  average  depth  was 
7.5  ft.  Depths  of  8  ft.  were  noted  at  Winnipeg,  Man.,  in  gravel 
soil  and  at  St.  John,  N.  B.,  in  clay  soil. 

Angle  of  Repose.  The  slope  that  the  face  of  a  mass  of  earth 
assumes  when  exposed  to  the  elements  for  several  months  is  called 
the  natural  slope.  The  angle  of  repose  is  the  angle  or  slope 
that  a  face  of  earth  makes  with  the  horizontal  when  not  sub- 
jected to  the  elements.  The  angle  of, repose  of  various  earths 
as  given  by  different   authorities   in   Table   II. 

TABLE  II  —  ANGLE  OP  EEPOSE  OF  VARIOUS  EARTHS 

Clay 

Well  drained  clay.   M 45°         or  1    -1 

Wet  clay,    M -™  or  3    -1 
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G-ravel 

Gjavel,   M 40°  or  1^-1 

Shingle,    Fl 39°  or  lVi-1 

Gravel  txposed  to  waves,  Fl 11°  or  5    -1 

Loam 

Compact  earth,   M ,    50°         or    %-l 

Vegetable  earth,  M 28°         or  2    -1 

'      '  Sand 

Dry  sand,  M 38°         or  1%-1 

Wet  sand,  M :....  22°'         or  2^-1 

Dry.  sand,  E 28°-30°  or  1%-1 

Sand  subjected  to  waves  on  shore  of  Lake 

Erie,  G 5°         or  10  -1 

Stone 

Rubble,    Fl, 45°         or  1    -1 

Broken  stone,   E  &  C  38°  28'  or  1%-1 

Authorities.  M,  Molesworth,  Fa,  Fanning,  Fl,  Flynn,  ("Irri- 
gation Canals"),  R,  Rankine,  G,  Observation  by  the  Author, 
E  &  G,  Engineering  and  Contracting,  May  30,  1906. 

Greatest  Height  of  Vertical  Bank.  The  following  table  ia  given 
by  Austin  T.  Byrne   ("Inspector's  Pocket  Book"). 

Greatest  depth  of 
temporary 
Earth  vertical  face 

Clean  dry  sand  and  gravel  0  to    1  ft. 

Moist  sand  and  ordinary  surface  mold. . .  3  to    6  ft. 

Clay,  ordinary   10  to  16  ft. 

Compact  gravel   10  to  15  ft. 

Dry  clay  in  place  frequently  stands  at  much  steeper  slopes 
than  the '  angle  of  repose  would  indicate.  C.  S.  Phelps  in  Eng. 
News,  July  1,  1896,  says  that  in  South  Carolina  clay  cut  at  % 
to  1  stands  better  than  at  1^  to  1,  because  the  clay  bakes  in  the 
sun  and  the  steeper  slopes  shed  water  without  saturating.  In 
Engineering  News,  Sept.  13,  1900,  H.  C  Miller  gives  examples:  of 
1  to  5  slopes  in  Brazil  that  have  stood  for  years.  Many  rail- 
roads use  a  slope  of  1^  to  1  for  the  sides  of  cuts  in  clay. 

Shrinkage.  Earth  always  swells  when  excavated.  On  being 
deposited  in  a  fill  or  embankment  it  shrinks  Obviously  the 
amount  of  swell  depends  upon  the  compactness  of  the  earth  prior 
to  excavation.  The  amount  of  shrinkage  from  the  loose  earth 
volume  depends  upon  the  means  of  conipacting  it,  or  upon  the  time 
a  fill  has  stood,  or  both.  Thus,  if  no  means  of  compacting  are 
employed,  shrinka,ge  may  continue  for  years,  whereas,  after 
thorough  compacting,  there  may  be  no  subsequent  shrinkage. 
The  earth  may  or  may  not  shrink  to  its  original  volume,  or  it 
may  shrink  to  less  than  the  original  volume.  As  compared  to 
original  volume,  ultimate  shrinkage  depends  not  only  on  the 
means  of  compacting  and  the  time,  but  upon  the  compactness  of 
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the  earth  before  it  was  excavated.  Any  earth,  no  matter  how 
compact  in  ita  original  position,  will  shrink  into  smaller  volume 
if  suflflcient  means  of  compacting  are  employecl.  Ordinary  tabu- 
lated percentages  of  shrinkage  are  useless.  There  is  so  much 
variation  between  earthwork  jobs  that  the  information  that  clay 
shrinks  10%  is  entirely  inadequate,  unless  accompanied  by  state- 
ments of  where  it  was  excavated  and  where  and  how  deposited. 

The  reader  can  best  obtain  data  on  shrinkage  by  having  many 
examples  set  before  him  from  which  he  can  select  those  where 
conditions  were  nearest  his  own  problem.  Beginning  with  the 
results  of  observations  by  Elwood  Morris,  in  1841  (published  in 
the  Proc.  Franklyn  Inst.),  data  given  in  the  first  edition  of  this 
book  and  other  data  from  more  recent  Engineering  literature 
follow. 

Railroad  Embankment  Built  by  Carts.  Morris  moved  earth 
by  means  of  carts  and  wooden  dfag  scrapers,  obtaining  the  fol- 
lowing results: 

Excavation      Embankment    Shrinkaee 
Material  cu.  yd.  ou.  yd.  per  cent. 

Yellow  clayey  soil  6,970  J,262  10.15 

Yellow  clayej  soil  25.975  23,571  9.25 

Light  sandy  soil   10.701  3.317  12.93 

Total 43,646  39.150  10.3 

Gravelly  earth  (small  scale  experiment)    "•" 

The  railroad  embankments  built  by  Morris  were  deposited  in 
layers;  one-horse  carts  and  wooden  drag  scrapers  being  the 
means  employed  in  moving  the  earth.  Work  was  begun  one 
year  and  finished  the  next,  so  that  fills  went  through  one  winter 
before  final  measurement.  Note  thq,t  the  shrinkage  had  all  oc- 
curred during  the  progress  of  the  work. 

Small  Scale  Experiments  in  India  were  made  by  Mr,  J.  H.  E. 
Hart  by  digging  trenches  2  ft.  deep  and-  6  ft.  wide,  casting  out 
the  earth  with  shovels. 

Trench  No.  1  in  "black  cotton  soil"  measured  416  cu.  ft.,  and 
the  loose  earth  cast  out  measured  600  cu.  it.,  showing  a  swelling 
of  184  cu.  ft.  or  23%,  which  was  checked  by  immediately  shoveling 
the  earth  back  into  the  trench,  without  ramming  it,  when  191 
cu.  ft.  of  loose  earth  were  left  over  after  filling  the  trench  level 
full  During  the  long  and  very  wet  rainy  season  which  followed, 
the  earth  in  the  trench  settled;  and  as  fast, as  it  did  so  the  loose 
earth  was  shoveled  in,  until  at  the  end  of  the  rainy  season  only 
22:^  cu.  ft.  of  loose  earth  remained,  showing  an  increase  of  j.^7o 
over  the  original  measure.  ■    . 

Trench  No  2  in  "gravelly  soil"  (2  ft.  deep),  showed,  a  swelling 
of  25%  when  the  earth  was  thrown  out  and  measured  loose  in  a 
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bank  1%  ft.  high;  and,  after  settlement  as  before  under  heavy 
lains  of  one  season,  half  the  loose  material  remaining  when  the 
trench  was  first  fillecl,  was  left,  which  wag  12%%  of  the  volume 
of  the  trench.  In  both  these  cases  the  earth  had  not  been 
walked  over  or  pounded  when  measured  loose. 

Swelling  of  Newly  Excavated  Uaterial.  A.  Von  Kaven,  Presi- 
dent of  the  Royal  Polytechnic  Institute  in  Aix-la-Chapelle,  gives 
in  his  book  on  road  building  the  following.  According  to  a 
series  of  observations  when  material  is  first  loosened  it  swells 
thus: 

Material  Increase  in  volume 

Sand    15  to  20% 

Clay  and  sand  , 22% 

Hard  clay,   lias   24% 

Clay  mixed  with  cobbles   26% 

Solid  gravel  bank 28% 

Soft  rock  which  can  be  picked  30% 

Hard  rock    , 34  to  50% 

While  Von  Kaven  does  not  state  how  the  material  was  loosened 
and  measured,  in  common  with  other  European  authorities  he 
doubtless  refers  to  materials  loosened  with  a,  shovel  and  not 
packed  down  afterward  by  traffic,  rain  or  otherwise, 

Swell  of  Material  in  levees.  Geo.  J.  Specht,  in  the  Trans,  of 
the  Technical  Society  of  the  Pacific  Coast,  May  1,  1885,  gives 
results  of  measurements  made  on  levee  work  coming  under  his 
own  observation.  The  levees  were  built  in  1884  along  the  Feather 
and  Sacramento  Rivers  in  Sutter  County,  California.  The  levees 
were  about  12  ft.  high,  6  ft.  wide  on  top  and  90.  ft.  wide  at  the 
base  with  front  slope  of  1  to  3  and  rear  slope  of  1  to  4.  Ma- 
terial was  borrowed  from  both  sides  for  a  distance  of  100  ft. 
from  the  toe  of  the  slope,  and  buck  scrapers  drawn  by  four 
horses  were  used  to  move  the  earth  which  was  not  rolled.  A 
bv.ck  scraper  drifted  or  pushed  to  place  about  90  cu.  yd.  per 
day.  The  soil  was  well  plowed  before  the  fill  was  placed  upon 
it  to  insure  a  good  bond. 

There  are  several  noteworthy  points  of  difference  between  this 
work  and  that  of  Morris  already  given.  In  the  first  place  Sutter 
County,  California,  is  a  rainless  district  in  the  summer.  Secondly 
the  material  was  taken  from  the  bed  of  a  river  and  such  ma- 
terial is  always  more  -dense  than  ordinary,  due. to  the  puddling 
action  at  times  of  high  water.  Thirdly  no  wheeled  vehicles 
passed  over  the  fill  during  construction,  whereas  a  large  quantity 
of  loose  earth  was  pushed  into  place  with  the  long  buck  scrapers. 

These  factors,  I  believe,  combined  to  make  an  unusually  favor- 
able condition  for  a  swelling  of  earth  when  taken  from  cut  to  fill. 

I   would   especially   emphasize   the   fact   that   sandy   earth   in 
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the  bottom  of  overflowed  river  valleys,  and  earth  approaching 
hard  pan  in  certain  glacial  deposits  is  very  dense.  Such  earth 
is  quite  certain  to  occupy  more  space  in  fill  than  it  did  in  cut, 
unless  thoroughly  rolled  or  rammed. 

The  results  obtained  by  Specht  were: 

9,398  cu.  yd.  in  cut  (heavy  adobe  clay)  made  9,470  cu.  yd. 
fill,  measured  three  weeks  after  finishing. 

10,000  cu.  yd.  in  cut  (adobe  in  sandy  loam)  made  10,290 
cu.  yd.  in  fill. 

29,000  cu.  yd.  in  cut  (adobe  in  sandy  loam)  made  30,330  cu. 
yd.  in  fill. 

53,350  cu.  yd.  in  cut  (sandy  loam,  with  small  amount  of  adobe 
and  hard  pan)  made  58,350  cu.  yd.  in  fill,  or  about  9.4% 
increase. 

202,634  cu.  yd.  in  cut  made  208,915  cu.  yd.  fill  (3  mdnths' 
work). 

Shrinkage  of  Embankments.  P.  J.  Flynn  {Engineering  News, 
May  1  and  8,  1886)  collected  a  great  array  of  data  on  earth 
swelling  and  shrinking;  and  reasoning  erroneously  by  combining 
the  shrinkage  of  the  Morris  embankments  with  the  swelling  of 
:the  Specht  embankments,  he  reached  the  remarkable  conclusion 
that  a  contractor  should  always  be  made  to  set  his  fill  stakes 
17%  higher  than  the  final  fill  was  to  be.  His  idea  was  that 
Specht  had  measured  his  fill  immediately  after  completion,  while 
Morris  had  waited  until  rains  had  settled  it.  This  was  erroneous 
reasoning. 

The  following  data  on  bank  shrinkage  after  the  bank  has  been 
finished,  are  taken  from  the  letters  of  contributors  to  a  contro- 
versy on  this  matter  in  Engineering  News,  Nov.  15,  1900,  and 
subsequent  issues. 

TABLE  III  —  EAETH  SHRINKAGE 

Authority  Conditions  of  fill  °|S*^,»*  ^^^ 

C.   H.   Tutton Pit  gravel  for  railway  fill  hy 

wagons 14  81,^%  after  6  mo. 

"  "       (....Pit  gravel  for  failway  fill  by 

wagons     "14  9%%  after  12  mo. 

H.    P.    Gillette Gravelly      dike,      made      by 

wheelers -15  3%  after  4  yr. 

"            "       Sandy,  loam  Erie  Canal  bank  22  3%  after  50  yr. 

"  "       Gravelly     road     embankment 

.      by, dump  cars   16  3%%  after  1  yr. 

Chas.   E,   relton..Sand    and    gravel    street    fill 

by    carts 5  and  6  1%  to  1%  after  4  yr. 

"                 "      ..Same  as   above,   by  carts 7  2%  after  4  yr. 

"      8  1%  after  4  yr. 

"      ■"      ....  10  21^%  after  '4  yr. 

"      ....  12  147c  aftei:  4  yr. 

"      ....  16  2'/,  after  4  yr. 

"      ....  18-20  l%-2%%  after  4  yr. 
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Depth  of  Vei^tical 
Authority                     Conditions  of  fill                fill,  ft.  shrinkage 
Woolsey    Pinnel.  .Eailroad  fills    (actual  levels), 
sand  and  gravel  by  wheel- 
ers     '. ,  1%  after  6mo. 

"  '*     .  .Clay    loam     and     earth,     by 

wheelers 2  to  3%  after  6  mo. 

"  "      ,  .Calico   clay,    and   kaoline    by 

'                           wheelers     5%  after  6  mo. 

"               "      ..Same  as  above,  by  carts  8%  after  6  mo. 

"               "     ...Earth,  carts,  wagons,  cars...  4  to  10%  after  6  mo. 
"               "     ..Siame    as    above,    by    wheel- 
barrows       15  to  25%  after  6  mo. 

L.   B,   Merrlam... Railway  fills,  by  scrapers  ...  ,                   3% 

''"   *'       ■    ■   "    *  ..-.    ■  i '■*           "     by  wheelers    ..  '  '     '                   5% 

"              "...       "           "     by  dump  cars.  7% 

Vy.F.  Shunk..... Railway    fills    2  to  i% 

Shrinkage  of  Railway  Emlianknieut.  Engineering  and  Con- 
tracting, March  19,  1919,  gives  the  following:  Specific  instances 
of  shrinkage  of  railway  embankments  were  cited  in  a  committee 
report  submitted  this  week  at  the  20th  annual  convention  of  the 
American  Railway  Engineering  Association.  Information  was 
given  regarding  8  embankments  between  mileposts  540  and  553. 
on  the  Atchison,  Topeka  &  Santa  Fe  Ry.  The  follojsfing  tabula- 
tion compiled  fr6m  the  report  shows  the  percentage  of  material 
required  to  restore  the  several  embankments  to  their  original 
width  after  a  lapse  of  4  years'  time : 

Quantities  re- 
Quantities  quired  to  re- 
in fill  at  .  stbrfe  fill  to'  Amount  of 
completion,  original    width  shrinkage 
Nov.,  1911  of  18  ft..  Per  cent. 
Cu.  yd.  Nov.,  1915 
.;•■■:,.      ,    ;  ,       •     .  Cu.  yd. 
Embankment  No,  i                  ,  15,762  1,824  11.6 
Embankment   No.  2                    147,582  6,995  4.7 
Embankment  No.  3                   125,680  2,371  1.9 
Embankment  No.  4                    19,067  99  .5 
Embankment  No.  5                   150,852  664  .4 
Embankment  No.   6                    57,709-  1,642  2.8 
Embankment   No.   7                      33,902  1,678  5.0 
Embankment  No.   8                    62,207  3,090  5.0 

The  base  of  embankment  No.  1  was  constructed  from  side  borrow 
with  fresnos.  It  was  topped  with  wheelers  and  carts.  The  ma- 
terial was  brown  pack  sand,  gyp  and  joint  clay.  The  base  of 
embankment  No.  2  was  also  made  from  side  borrow  with  fresnos 
and  wheelers.  It  was  topped  with  cars.  The  material  was  the 
same  as  for  No.  1.  For  No.  3  the  base  was  placed  with  fresnos; 
It  was  topped  with  wheelers.  The  material  was  brown  pack  sand, 
gyp  and  joint  clay.  Several  rains  occurred  during  the  period 
this  fill  was  being  placed  which  accounts  for  the  small  amount 
of  !  shrinkage.  The  base  of  No.  4  was  placed  with  fresnos ;  it 
was  topped  with  wheelers  using  gyp  and  pack  sand.     The  base 
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of  No.  5  was  placed  with  fresnos  from  side  borrow;  it  was  topped 
with  machine  and  wagons.  The  material  was  red  sandy  clay  and 
gyp.  Fresnos  were  used  in  placing  the  base  of  No.  6;  it  was 
topped  with  wheelers.  The  material  was  brown  sandy  clay  and 
gyp.  During  the  time  this  fill  was  being  put  in  there  were 
several  very  heavy  rains,  which  accounts  for  small  amount  of 
shrinkage.  The  fill  for  embankment  No.  7  was  made  from  side 
borrow  with  fresnos;  the  material  was  black  sandy  loam  and 
clay.  The  fill  for  No.  8  was  made  from  side  borrow,  the  base 
being  placed  with  fresnos  and  tlie  top  with  wheelers.  The  ma- 
terial was  black  sandy  loam  and  brown  sandy  clay  and  gyp. 

Effect  of  Water  on  Clay  Shrinkage.  In  the  ninth  annual  re- 
port of  the  Boston  Transit  Commission,  1903,  data  on  clay  shrink- 
age are  given  by  Howard  A.  Carson. 

Experiments  were  mafje  on  12-in.  cubes  of  clay  taken  from  the 
JIast  Boston  Tunnel  which,  were  dried  for  three  days  beside  a 
warm  stove. 

Experiment  No.  1,  clay  containing  no  sand,  from  East  Boston 
Tunnel: 

No.  1  No.  2  No.  3 

Shrinkage  in  volume   19.5%  19.3%  16.3% 

Shrinkage  in  weight  21.4%  22.2%  21.4% 

1  cu.  ft.  shrank  to   0.8  cu.  ft. 

1  lin.   ft.  shrank  to   0.93  lin.  ft. 

Experiment  No.  2,  clay  containing  30%  fine  sand:  ., 

Shrinkage   in   volume    11.5% 

Shrinkage  in  weight   18.6% 

1  cu.  ft.  shrank  to  0.9  cu.  ft. 

1  lin.  ft.  shrank  to  0.96  ft. 

Carson  states  in  a  letter  to  the  author  that  the  first  tests  were 
made  upon  12-in.  cubes  of  clay  spaded  from  the  tunnel  but  that 
later  tests  were  made  on  clay  cylinders  2  in.  in  diameter  by 
4  in.  long  placed  in  gasoline.  Measurements  were  made  by  the 
displacement  of  mercury  and  the  results  were  as  follows. 

Effect  of  water  on  volume  of  clay : 


iTater,  per  cent. 

Volume  of  clay 

of  dry  weight 

per  cent. 

28 

100 

25 

95 

23 

92 

22 

91% 

21 

90 

19 

88 

18 

87 

16 

83 

15   ■ 

82' 

14% 

SO 

13 

80 
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Plotted  to  scale  these  tests  show  tliat  the  volume  varies  almost 
exactly  as  the  percentage  of  water. 

European  Experience  with  the  Shrinkage  of  Clay.  An  article 
liy  Thanneur,  Ing.  Fonts  et  Chausses,  is  translated  in  Engineering 
Keios,  April  2,  1887,  by  H.  N.  Ogden. 

In  the  embankments  built  in  1874-1882  from  the  quarry-clay 
and  green  loam  of  the  Coulomnieer  district  an  allowance  of  10 
to  15%  was  made  as  compared  with  the  excavation.  But  in 
spite  of  this  precaution  these  embankments  settled.  Capt.  Martin, 
of  the  English  engineers,  showed  in  a  paper,  read  Mar.  23,  188S, 
that  for  certain  miry  loams  the  shrinkage  attained  23..5%. 
Preliminary  tests  can  alone  determine  the  coefficient  for  any 
particular  case;  but  prudence  will  indicate  25%  as  a  minimum 
allowance.  ' 

This  is  borne  out  by  experience  in  building  the  "new  wall" 

■  at  Calais.     Here  on  the  south  front  the  ditch  was  dug  in  miry 

loam,  and  the  difference  in  volume,  between  the  excavation  and 

material   extracted,   was   so  great  as  to   be   at  first   charged   to 

error  in  calculation. 

Experiments  have  been  made  as  follows:  An  excavation  was 
made  specially  of  5,174  cu.  yd.,  the  earth  removed  was  levelled 
and  tamped  on  a  heavy  timber  platform,  and  when  measured 
was  found  to  contain  4,912  cu.  yd.  This  dirt,  however,  was 
artificially  moistened  to  compensate  for  drying;  and,  as  the 
water  already  in  the  soil  could  not  be  measured,  it  was  impos- 
sible to  arrive  at  relative  quantities  of  moisture.  As  a  certain 
portion  of  this  water  drained  off  from  the  "  filling,"  it  is  rea- 
sonable to  conclude  that  the  first  settling,  to  the  extent  of  about 
5%,  is  explained  by  this  loss  of  moisture.  In  the  experiment 
above  noted  a  cube  (0.45  cu.  ft.)  weighing  50  lb.,  was  taken 
from  the  levelled  and  pounded  and  still  fresh  earth.  This  cube 
kept  for  some  days  at  the  normal  temperature  dried  quite  rapidly, 
and  after  one  year  was  reduced  to  a  volume  of  0.39  cu.  ft.  and 
weight  of  45.5  lb. 

Shrinkage  of  Rolled  Earth  Dam.  TJie,  most  valuable  careful 
tests  made  in  recent  years  are  those  described  by  Burr  Bassell 
in  his  book  on  "Earth  Dams"  (also  in  Engineering  News, 
July  10,  1902).  Tests  were  made  on  the  material  used  in  the 
construction  of  the  Tabeau  Dam  which  was  a  mi-xture  of  62% 
earth  and  38%  gravel. 

Material  in  its  natural  bank  weighed  116.5  lb.  per  cu.  ft. 

Material  sprinkled  and  rolled  in  6-in.  layers  in  embankment 
weighed  133  lb.  per  cu.  ft. 

Material  delivered  by  wagons  moist  and  dumped  loosely  weighed 
76.6  lb.  per  cu.  ft. 
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Material  dug  out  of  dam  embankment  loose  and  shaken  weighed 
80  lb.  per  cu.  ft. 

The  natural  soil  contained  19%  of  moisture,  and  33%  of 
water  had  to  be  added  to  fill  all  its  voids,  making  a  total ,  of 
52%  of  voids  in  the  natural  soil  when  loosened. 

From  the  foregoing  it  is  evident  that  the  natural  bank  when 
loosened  and  placed  in  a  wagon  swelled  46%,  which  is  a  high 
percentage  and  indicates  an  unusually  dense  bank.  Upon  roll- 
ing the  earth  in  the  embankment  there  was  a  shrinkage  of  about 
12%  from  the  original  place  measure.  Let  it  be  noted  that  the 
rolled  fill  weighed  1%  times  as  much  as  the  loose  moist  earth 
and  that  its  weight  of  133  lb.  per  cu.  ft.  is  almqst  as  great  as 
solid  masonry!  In  fact,  concrete  often  weighs  no  more  than 
this  earth  dam  embankment.  For  a  description  of  the  construc- 
tion of  the  Tabeau  Dam  see  the  chapter  on  Earth  Dams. 

Shrinkage  of  Embankment  of  Hardpan  and  Boulders.  The 
Forbes  Hill  Reservoir  (Mass.)  is  described  in  Engineering  ?yews, 
Mar.  13,  1902.  The  embankments  were  made  of  clay  hardpan  con- 
taining boulderg;  a  four-horse  plow  was  required  to  loosen  the 
hardpan.     The  following  are  the  volumes  of  cut  and  fill: 

HardpaB,  -measured,  before  loosening  17,466  cu.  yd. 

Rolled  liardpifn  embankment  15,474    "     ." 

Shrinkage,   H.4%  or    1,992    "      " 

Material  excavated'  as  above   17,466  cu.  yd. 

Estimated   equivalent   amount  of  stone    (bould- 
ers, etc.),  removed,  5.9%  or   1,043  cu.  yd. 

While  the  item  of  stone  removed  is  rather  obscurely  recorded 
it  would  seem  that  the  natural  bank  really  shrank  1,002  —  1,043 
=  849  cu.  yd.  or  less  than  5%  during  the  rolling.  After  the  fill 
was  finished  it  did  not  shrink  at  all  during  the  winter  following. 

Shrinkage  of  Top  Soil  Under  KoUing.  The  shrinkage  of  top 
soil  rolled  in  6-in.  layers  has  been  investigated  in  the  eonstriic- 
tion  of  the  North  Dike  of  the  Wachusett  Reservoir,  near  Clinton, 
Mass.,  and  is  reported  upon  by  Alex.  E.  Kastl,  "  The  Technic " 
for  1902,  Eng.  'News,  Aug.  7,  1902.  The  length  of  the  trench 
which  was  filled  was  1,375  ft.  About  500  ft.  of  this  length  was 
about  30  ft.  deep,  30  ft.  wide  at  the  bottom,  with  side  slope  of  1 
on  1.  The  remainder  varied  in  depth  from  0  to  25  ft.,  and  in 
width  from  50  to  80  ft.  between  slope  stakes,  with  side  slopes  of 
approximately  1  to  1,  having  been  partially  filled  under  a  previous 
contract.  The  soil  was  excavated  from  an  area  of  64  acres  to  an 
average  depth  of  0.78  ft.  About  59  acres  of  this  area  contained 
stumps.  The  land  from  which  the  soil  was  excavated  was  called, 
sprout  land  —  land  which  has  been  cleared  of  forest  growth  and 
afain  allowed  to  grow  over  with  tr.ees  and  brush.     The  volume 
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of  the  soil  measured  in  excavation  was  80,350  cu.  yd.  The  vol- 
ume of  the  soil  after  it  was  deposited  and  compacted  in  the  cut- 
OH  trench  was  50,735  cu.  yd.  or  29,620  cu.  yd.  less  than  the  vol- 
ume measured  in  excavation.  The  final-  levels  were  taken  a  tew 
days  after  the  completion  of  the  worlc.  From  the  ajjove  it  follows 
that  the  shrinkage  of  the  soil  vfas  37%,  calling  the  volume  of 
80,355  cu.  yd.  100%.  This  shrinkage  includes  roots  ^  in.  or  more 
in,  diameter  and  stumps  so  far  as  they  were  originally  embedded 
in  the  soil,  but  which  were  removed  and  burnt.  Roots  %  in.  or 
more  in  diameter,  stumps  or  other  wood  were  not  allowed  to  be 
deposited  with  the  soil  in  the  cut-off  trench.  The  soil  was  free 
.  from  stones.  The  vollime  of  the  soil  excavated  was  determined 
from  levels  taken  when  there  was  no  frost  in  the  ground..  The 
first  levels  were  taken  after  the  ground  was  cleared  of  trees  and 
brush,  which  were  removed  and  burnt  or  otherwise  disposed  of, 
and  before  the  contractor  had  commenced  grubbing;  and  the  final 
levels  after  the  final  excavation  was  finished.  The  volume  of  the 
soil  excavation  includes  the  roots  and  stumps  so  far  as  the  same 
were  embedded  in  the  layer  of  soil  excavated.  The  levels  extended 
over  the  entire  area  stripped  and  were  taken  not  more  than  25  ft. 
apart,  that  is,  not  less  than  70  cuts  or  depths  of  soil  were  de- 
termined for  each  acre.  The  ground  was  divided  into  squares  500 
ft.  on  a  side,  the  corners  of  which  were  permanently  marked 
and  the  sides  were  used  as  base  lines  for  the  cross  section  work. 
The  average  depth  given,  0.78  ft.,  is  the  total  volume  of  the 
soil  excavated  divided  by  the  area,  and  is  only  intended  to  give 
some  idea  of  the  depth  of  the  soil  stripping.  All  the  soil  con- 
taining 4%  or  more  of  organic  matter  is  removed  from  the  reser- 
voir site.  The  volume  of  the  soil  when  in  the  trench  was  cal- 
culated from  accurate  cross-sections,  taken  not  more  than  25 
ft,  apart  before  and  after  the  filling  of  the  trench.  Before  rolling 
the  soil  it  was  watered  as  much  as  it  would  bear  without  stick- 
ing to  the  roller.  The  type  of  roller  which  was  used  weighs 
about  6,000  lb.,  and  is  drawn  by  two  horses.  The  cylinder  of  the 
roller  is  5  ft.  long  and  is  composed  of  19  cast-iron  wheels,  3  in. 
thick  at  rim,  10  being  2  ft.  11  in.  and  9  2  ft.  8  in.  in  diameter, 
respectively,  arranged  alternately. 

The  amount  of  shrinkage  encountered  on  this  vpork,  37%,  is  ex- 
treme, but  was  to  be  expected  as  forest  top  soil  is  the  loosest  of 
all  soils;  and  rolling  in  thin  wetted  layers  is  a  very  efficient 
way  of  compacting. 

Shrinkage  of  Embankment  of  Wachusett  Reservoir.  Accord- 
ing to  Engineering  News,  June  11,  1903,  the  North  Dike  of  the 
Wachusett  Reservoir  was  flooded  after  rolling,' from  May  19  to 
June  30.     Small  dikes  were  used  to  hold  the  water  on  an  area  of 
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41^  acres  on  the  main  dike  which  had  been,  built  up  of  6-in.  rolled 
layers  to  a  height  of  51  ft.  Settlement  after  flooding  ranged 
from  0.06  ft.  to  0.26  ft.,  the  average  being  0.15,  ft; 

On  a  dike  40  ft.  high  built  in  7.5-ft.  layers  without  rolling  the 
maximum  settlement  was  1  ft.  and  the, average  0.47  ft. 

Shrinkage  of'  Rolled  Embankment.  In  the  construction  of  the 
Peterborough.  Ont.,  lock  on  the  Trent ,  Canal  the  earth  embank- 
ment, upon  which'/ the  canal  is  carried  up  to  the  back  of  the 
breast  wall,  was  built  in  layers  about  8  in.  in  thickness,  thor- 
oughly compacted  .and  rolled.  During  the  hot  and  dry  season  the 
earth  filling  was  liberally  watered.  The  material  was  clay  con- 
taining small  stones.  This  method  produced  an  embankment  hav- 
ing the  remarkable  record  for  settlement  of  only  about  0.1  ft.  in  a 
period  of  nearly  a-  year  where  the  depth  of  All  was  upwards  of 
40  ft. 

Increase  in  Volume  of  Dredged  Material.  In  the,  construction 
of  the  Buffalo  Breakwater,  which;  is  ■  described  by .  Emile  Jjow  in 
"  Trans.  Am.  Soc.  C.  E.,"  Vol.  52,  the  total  quantity  of  material 
dredged  was  as  follows: 

Oa.  yd. 

Season  of  1897  by  dipijer  dredge  8,117 

"        "   1898   "        '*  "  ...        4  934 

"   1898  •  by  clam-sheir  dredge  ".'■  ....l...'.  ■....■  .1    m.SlO 

*  

Total  scow  measurement   206,861 

Total  place  measuremi  nt  192,258 

Swelling  1-7.6%,,   or    14,603 

The  following  results  have  been  found  on  the  United  States 
Public  Works: 

Increase  of 
scow 
measurement 
over  place:  ' 

Material  measurement 

Bock  (large  fragments  make .  greater  increase) . .        75  to  100% 

Sandstone  and  limestone 30% 

Very  soft  mud, ' 13% 

Soft  blue  mud , „„S« 

Hard  sand  with  Stoall  adihixcm  e  of  silt  ^9" rZ" 

Loose  muck  dredged  froni  reservoir 15-17% 

With  the  hydraulfic  suction  dredge  where  niuch  fine  light 
material  is  encountered  the  scow  measure  will  be  equal  to  or  less 
than  the  place  measure. 

Summary.  From  this  varied  mass  of,  data  we  may  deduce  the 
following  general  rules:  1 

1.  Taking  extreme  cases,  earth  swells  when  first  loosened  with 
a  shovel,  so  that  after  loosening  it  occupies  li^^  to  1%  times  as 
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much  space  as  it  did  before  loosening;  in  other  words  loose  earth 
is  14  to  50%  more  bulky  than  natural  bank  earth. 

2.  As  an  average  we  may  say  that  clean  sand  and  gravel  swell 
14%;  loam,  and  loamy  sand  and  gravel,  20%;  dense  clay  and 
dense  mixtures  of  gravel  and  clay,  33  to  50%. 

3.  That  this  loose  earth  is  compacted  by  several  means:  (a) 
the  puddling  action  of  water,  (b)  the  pounding  of  hoofs  and 
wheels,  (c)  the  jarring  and  compressive  action  of  rolling  arti- 
ficially. 

4.  If  the  puddling  action  of  rains  is  the  only  factor,  a  loose 
mass  of  earth  will  shrink  slowly  back  to  about  its  original 
volume;  but  an  embankment  of  loose  earth  will  at  the  end  of  a 
year-  be  still  about  8%  greater  than  the  cut  from  which  it  came. 

5.  If  the  embankment  is  made  with  small  one-horse  carts,  or 
wheel  scrapers,  at  the  end  of  the  work  it  will  occupy  5  to  10% 
less  space  than  the  cut  from  which -the  earth  was  taken;  and  in 
subsequent  years  will  shrink  about  2%  more,  often  less  than 
2%. 

6.'  If  the  embankment  is  made  with  wagons  or  dump  cars,  and 
made  rapidly  in  dry  weather  without  water,  it  will  settle  verti- 
cally, 3  to  10%  in  the  year  following  the  completion  of  the  work 
and  very  little  in  subsequent  years. 

7.  The  height  of  the  embankment  appears  ta  have  little  effect 
on  the  percentage  of  its  subsequent  shrinkage. 

8.  By  proper  mixing  of  clay  or  loam  and  gravel,  followed  by 
sprinkling  or  rolling  in  thin  layers,  a  bank  can  be  made  weighing 
1%  times  as  much  as  loose  earth,  or  133  lb.  per  cu.  ft. 

9.  The  bottom  lands  of  certain  river  valleys  and  banks  of  ce- 
mented gravel  or  hardpan  are  more  than  ordinarily  dense  and  will 
occupy  more  space  in  fill  than  in  cut,  unless  rolled.  Dry  clay 
*aken  from  deep  cuts  will  absorb  and  hold  additional  moisture  in 
embankment  and  will  be  accordingly  increased  in  volume. 

10.  Dry,  tough  clay  often  breaks  into  chunks  resembling  shale, 
and  then  swells  when  first  loosened  almost  as  much  as  rock. 

Bibliography.  "A  Treatise  on  Bocks,  Bock  Weathering  and 
Soils,"  George  P.  Merrill.  "  Soils  and  Manures,"  J.  Alien  Mur- 
ray. "Practical  Designing  of  Retaining  Walls,"  Wm.  Cain  (co- 
hesion and  friction). 

"  Bulletin  No.  64,"  Bureau  of  Soils,  U.  S.  Dept.  of  Agriculture, 
1900. 


CHAPTER  ll 

MEASUREMENT,   CLASSIFICATION  AND  COST 
ESTIMATING 

Earthwork   Definitions.    The   American   Railway' Engineering 

and  Maintenance  of  Way  Association  have  stand9<r(lized  defini- 
tions which  are  given  in  their  "  Manual "  for,  1915  as  foUpws: 
.Group  A  —  General.   ..^     ,  ,, 

Classification. —  Arranging  the  material  in  groups  according  to 
its  character. 

Contract.— r  A  written  agreement  between  two  or  more  parties 
specifying  terms,  conditions,  etc.,  under  which  certain  obli- 
gations must  be  performed.  (Specifications  are  a  part  of  the 
contract.) 

Estimate  (noun). —  (a)  A  statement  of  work  performed  or  ma- 
terial furnished,  according  to  which  payment  is  to  be  ren- 
dered. .,    , 

EsTiniATE  (poun). —  (b)  A  statement  showing  the  probable  cost  of 
a  proposed  piece  of  worli. 

Estimate  .^.verb ) . —  The  act  of,  making  an  estimate. 

Quantities. —  The  amount  of  material  to  be  handled,  expressed 
m  th,e  u.'fual  units. 

Slide. —  The  movement  of  a  part  of  the  earth  under -the  force  of 
gravity. 

Specification. —  That  part  of  the  •  contract  describing  the  ma- 
terials for  or  the  details  of  construction. 

Stock-Pass. —  A  culvert  or  bridge  opening  under  the  track,  pri- 
marily for  the  passage  of  stock.  ^     - 

Unit  Prick. —  The  price  per  unit  of  the  various  quantities  speci- 
fied in  a  contract  for  which  a  certain  work  is  to  be  per- 
formed. ^,,,  ,  ,,  ,     . 

WAsrioi'T. —  The  carrying  off  of  the  permanent  way  by  the  im- 
pact and,  erosion  of  waters. 
Group  D  —  Right-of-Way. 

Rigut-of-Way. —  The  land  or  water  rights  necessary  for  the  road- 
bed and  its  accessories. 

Roadbed. —  The  finished  surface  of  the  roadway  upon  which  the 
track  and  ballast  rest. 

Roadway. —  That  part  of  the  right-of-way  of  a  railway  prepared 
to  receive  the  track,  (During  construction  the  roadway  is 
often  referred  to  as  tlie  "grade.") 

Station  Grounds. —  Property  to  be  used  for  station  purposes. 
Group  C — Technical. 

Alixement. — ^The  horizontal  location  of  a  railway  with  reference 
to  curves  and  tangents. 

19 
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Centeb-Line. —  A,  line  indicating  the  center  of  an  excavation, 
embankment  or  track. 

Construction  Station. —  The  center  line  stake  set  at  the  end  of 
,    each  full   100-ft.   tape  or   chain   length    (commonly   called  a 
"  station  "). 

Contoue. —  The  line  of  intersection  between  a  horizontal   plane 
■  and  a  given  surface. 

CrosS;Section. —  A  section  through  a  body  perpendicular  to  its 
axis.     ■     ' '  '  •■■<'■' 

Center  Stakes. —  Stakes  indicating  the  center  line. 

Elevation  or  Height.— The  distance  of  any  given  point  above  or 
below  an  established  plaiie  or  datum. 

Finishing  Stakes. —  Final  stakes  Set  for  the  completion  of  the 
work. 

Grade  (verb). —  To  prepare  the  ground  for  the  reception  of  the 
ijallast  and  track. 

Grade-Line. —  The  line  on  the  profile  representing  the  tops  of 
embankments  and  bottoms  of  cuttings  ready  to  receive  the 
ballast. 

Gradient.^  The  fate  of  inclination -of  th6  grade-line  from  the 
horizontal. 

^Location. — ;  The  ■  center  line  and  grade  line  of  a.  railway  estab-. 
lished,  preparatory"  to  its  future  construction. 

Plan.^  a  drawing  furnished  for  guidance  of  work. 

Profile. —  The  intersection  of  a  longitudinal  vertical  plane  with 
the  ground  and  established  gradients;    or  a  drawing  repre- 

,    '    senting  the  same. 

Slope. —  The  inclined  face  of  a  cutting  or  embankment. 

Slope  Stakes.^  Stakes  set  to  indicate  the  top  or  bottom  of  a 
slope. 

SuBGRADE. —  The  tops  of  embankments  and  bottoms  of  cuttings 
ready  to  receive  the  ballast. 

Top  of  Slope. —  The  intersection  of  a  slope  with  the  groiind  sur- 
face in  cuts,  and  the  plane  of  roadbed  on  embankrhent.    " 

Toe  or  Slope. —  The  intersection  of  a  slope  with  the  ground  sur- 
face in  embankments,  and  the  plane  of  roadbed  in  cuts. 
Group  D  —  Clearing. 

Brush. —  Trees  less  than  4-in.  stump-top  diameter,  shrubs  or 
branches  of  trees  that  have  been  cut  off. 

CleahingI —  Removing  natural  and  artificial  perishable  obstruc- 
tions to  grading. 

Grubbing.- — Removing  the  stumps  and  roots. 
Group  D  —  Drainage. 

Bog. —  Soft,  spongy '  ground,  usually  wet  and  composed  of  more 
or  less  vegetable  matter. 
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Channel. —  The  depression  or  cut  in  which  a  stream  is  confined. 

Culvert. —  An  arche(i,  circular  or  flat  covered  opening  of  timber, 
iron,  brick  or  masonry,  carried  under  the  roadbed  for  the 
passage  of  water,  or  for  other  purposes. 

Drain. —  An  artificial  waterway  for  conducting  water  from  the 
roadway. 

Drainage. —  The  interception  and  removal  of  water  from,  upon 
or  under  the  roadway. 

Ditch. —  An  open  artificial  waterway  for  providing  drainage. 

Intercepting  Ditch. —  An  open  artificial  waterway  for  prevent- 
ing surface  water  from  flowing  over  the  slopes  of \  a  cut  or 
against  the  foot  of  an  embanlcment. 

Subdbain. —  A  covered  drain,  below  the  roadbed  or  ground  sur- 
face, receiving  the  water  along  its  length  by  absorption  or 
through  the  joints. 

Trench. — -"A  narrow,  shallow  excavation  to  receive  a  structure. 

Waterway. —  A  channel,  either  natural  or  artificial,  for  conduct- 
ing the  flow 'of  water. 
Group  F  —  Grading. 

Average  Haul. —  The  mean  distance  material  is  to  be  hauled. , 

Average  Total  Haul. —  The  average  total  distance  material  is  to 
be  hauled. 

Benched. —  Formed  into  a  series  of  benches. 

Berme. —  ( a )  The  space  left  between  the  top  or  toe  of  slope  and 
excavation  made  for  intercepting  ditches  or  borrow  pits, 
(b)   An  approximately  horizontal  space  introduced  in  a  slope. 

Borrow   (verb). —  To  take  material  from  a  borrow  pit. 

Borrow   (noun). —  Material  removed  from  a  borrow  pit. 

Borrow  Pit. —  An  excavation  made  for  the  purpose  of  obtaining 
material. 

Embankment  (or  Fill). —  A  bank  of  earth,  rock  or  other  ma- 
terial constructed  above  the  natural  ground  surface. 

Excavation  (or  Cutting). —  (a)  The  cutting  down  of  the  natural 
ground  surface;  (b)  The  material  taken  from  cuttings,- bor- 
row pits  or  foundation  pits;  (c)  The  space  formed  by  remov- 
ing material.  ' 

Foundation  Pit. —  An  excavation  made  for  laying  the  foundation 
of  a  structure.  ; 

Haul. —  The  distance  material  is  moved  in  the  construction  of  the 
roadway. 

Free  Haul. —  The  distance  within  which  material  is  moved  with- 
out extra  compensation . 

Overhaul. —  The  number  of  cu.  yd.  moved  through  the  over- 
haul distance  multiplied  by  the  overhaul  distance  in  units  of 
100  ft. 
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Overhaul  Distance.-^  The  distance  beyond  the  free-haul  limit 
that  material  is  hauled  in  constructing  the  roadway,  for 
which  extra  compensation  is  allowed. 

Ramp. —  An  inclined  approach. 

Shrinkage. —  The  contraction  of  material. 
,  Stepped. —  Formed  into  a  series  of  steps. 

Tamped  (or  Packed).-^ Packed  down  by  light  blows. 

Total  HAUL.^The  total  distance  that  material  is  to  be  hauled. 

WASTE.-T- Material  from  excavation  not  used,  iu  the  formation  of 
the  rjoadway. 

Waste  or  Spoil  Banks.—  Banks  outside  the  roadway  formed  by 
waste.        ,  - 

Group  G  -^  Tunnels.  ■ 

Curb. —  A  broad,  flat  ring  of  wood,  iron  or  masonry,  placed  under 
the  bottom  of  a  shaft  to  prevent  unequal  settlement,  or  built 
into  the  walls  at  intervals  for  the  same  purpose. 

Rock. —  A  solid  mass  of  mineral  substance. 

Shaft. —  A  pit  or  well  sunk  from  the  ground  surface  above  into 
a  tunnel  for  the  purpose'  of  furnishing  ventilation  or  for  fa- 
cilitating the  work  by  increasing  the  number  of  points  from 
which  it  may  be  carried  on. 

Tunnel. —  An  excavated  passageway  under  grotind  or  water. 

Well  (or  Sump). —  A  dstern  or  well  into  which  water  may  be 
conducted  by  ditches  to  drain  other  portions  of  a  piece  of 
work. 

Measurement.  Earthwork  is  measured  and  paid  for  by  the 
cubic  yard  or  cubic  meter.  Usually  the  measurement  is  of  earth 
"  in  place,"  that  is  in  the  natural  bank,  cut  or  pit,  before  loosen- 
ing. This  is  called  ''  place  measurement.''  \Miere  small  embank- 
ments are  built  from  i  side .  borrow  or  from  other  irregular  pits, 
it  is  more  convenient  to  measure  the  material  in  the  embankment, 
and  there  is  no  reason  why  this  should  not  be  done.  Levees  and 
dikes  are  usually  paid  for  by  the  cubic  yard  of  compact  embank- 
ment, the  allowance  required  for  shrinkage  being  given  in  the 
specifications  and  stated*  to  apply  to  the  slopes  as  well  aa  the  top 
of  the  dike.  Stiuctures  built  by  hydraulic  fill  are  measured  in 
embankment.  Dredging  is  often  paid  for  by  measurement  in 
scows. 

Measurement  "  in  place  "  is  most  satisfactory  and  should  ordi- 
narily be  adhered  to  for  all  "  useful  excavation,"  that  is,  where 
material  is  cleared  away  from  required  space  to  make  room  for 
a  building,  railway,  canal  or  other  structure.  Excavation  done 
to  procure  material  for  building  embankments  is  called  "  borrow." 
This,  too,  should  be  measured  in  place  if  the  borrow  pits  can  be 
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readily  cross-sectionert  and  if  the  means  of  transportation  are 
sucli  that  none  of  the  material  is  lost ;  otherwise  it  is  best 
measured  in  embankment.  But  iii  any  ease  the  specifications 
should  say  how  measurement  is  to  be  made;  and  if  in  embank- 
ment, they  should  say  how  soon  after  completion  the  embankment 
is  to  be  measured  and  what,  if  any,  allowance  is  to  be  made  for 
shrinkage. 

On  railway  and  other  similar  work  "  useful  excavation  "  from 
cuts  is  used  to  build  nearby  embankments.  This  material  is  not 
paid  for  twice,  but  it  is  specified  that  it  shall  be  hauled  a  cer- 
tain minimum  distance,  called  "  free  haul,"  without  extra  com- 
pensation. Transportation  beyond  this  distance,  called  "  over- 
haul," is  paid  for  in  cents  per  cu.  yd.  per  100  ft.  of  overhaul. 
When  the  distance  from  cut  to  fill  becomes  so  great  that  the  cost 
of  overhaul  is  greater  than  "the  cost  of  excavation,  material  from 
the  cut  is  wasted,  and  a  borrow  pit  is  opened  to  obtain  material 
for  the  embankment.  In  this  ease  double  payment  is  made,  one 
for  the  yardage  borrowed,  and  one  for  the  yardage  wasted. 

Legality  of  Methods  of  Calculating  Earthwork.  It  .is  not  the 
author's  intention  to  discuss  methods  of  staking  out,  measuring 
and  ^calculating  volumes  in  this  book.  These  operations  are 
classed  as  surveying,  and  information  concerning  them  is  readily 
available  in  books  on  that  subject.  One  point  however  in  which 
some  of  the  text  books  are  misleading  is  that  they  lay  undue 
emphasis  on  the  value  of  the  prisraoidal  formula.  The  method  of 
computing  by  average  end  areas  is  equally  accurate  if  intelligently 
used,  is  much  simpler,  and  has  the  sanction  of  the  courts.  The 
laws  of  some  states  provide  that  "  in  the  absence  of  any  specified 
agreement  as  to  measurement,"  the  "  average  end-area "  formula 
must  be  used. 

Search  No.  774  in  the  library  of  the  American  Society  of  Civil 
Engineers  gives  references  on  the  law  of  New  York  State  in  re- 
gard to  the  calculation  of  earthwork. 

In  a  law  suit  over  a  contract  for  railroad  building, in  South  - 
Dakota  the  court  favored  the  prismoidal  formula  over  the  aver- 
age end-area  method  of  computation.  That  this  decision  was 
brought  about  by  the  misuse  of  the  average  end-area  method  is 
shown  by  the  following,  which  is  taken  from  a  history  of  the 
case  by  Francis  C.  Tucker  in  Jour.  Asso.  Eng.  Soc,  Vol.  15,  1895. 
Another  reason  for  large  differences  in  quantities  was  that  the 
engineers  of  the  Railroad  Company  substantially  gave  the  true 
prismoidal  quantities,  while  the  quantities  given  by  the  sub-con- 
tractor's engineer  were  obtained  by  averaging  end  areas  *ithout 
correcting  in  any  way  for  the  most  extreme  difTerences  in  con- 
secutive cross-sections,  although  he  took  his  cross-sections  much 
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further  apart,  usually,  than  the  Company's  engineers  did,  thereby 
much  increasing  the  need  of  correction.  He  carried  the  method 
of  averaging  end  areas  to  the  extreme  of  using  it  at  both  ends  of 
every  cut  oni  side-hill;  that  is,  he  invariably  treated  material 
which  was  actually  pyramidal  in  form  as  being  wedge-shape, 
thereby  increasing  the  quantity  by  50%.  An  attempt  was  made 
in  the  evidence  to  show  that  custom  had  established  the  method 
of  averaging  end  areas  without  correction ;  in  effect,  legalizing  it. 
To  disprove  thisi  the  defendants  introduced  in  evidence  the  lol- 
lowing  portions  of  standard  worlds:  , 

Computation  from  Diagrams  of  Railway  Earthwork,  Wellington.-  Preface, 
page  4.  ' '  ■ 

"  Economic  'Theory  ,  of  Location  of  Railways,  Wellington."  Page  896, 
articles  1257  and  1258. 

"Field  Engineering,"  Searles:  Page  203,  article  2.35;  page  225,  article 
254;  page  229,  article  256;  page  236,  article  263;  page  200,  article  231;  page 
201,  article  232. 

"  Excavations  and  Embankments,"  Trautwine.  ,  .  _^  ,. 

"  Engineer's  Pocket-Book,"  twenty-fifth  thousand ;  page  161,  Trautwine. "    '  ^ 

"  Mensuration  of  Volumes."    Page  129,  Davies'  Legendre; 

They  also- claimed  a  strict  interpretation  of  the  contract,  which 
says:  "Payment  being  made  only  for  number  of  yards  actually 
removed  by  contractor,  within  the  specified  slope,  grade  and  sur- 
face planes,"  and  "  Earthwork  will  be  computed  from  cross-sec- 
tion notes  of  excavation  prisms;  that  is,  the  quantities  between 
the  slope,  grade  and'  surface  planes  shall  be  taken,  and  shall  be 
pSid  for  by  the  cubic  yard  of  twenty-seven  (27)  cubic  feet." 

To  show  the  importance  of  this  question  of  methods,  and  the 
e.xtbrtion  that  an  unscrupulous  engineer  might  perpetrate  by  a 
judicious  misuse  of  the  averaging  end-area  method  without  cor- 
rection, several  test  cases  were  selected  from  the  cross-sections 
as  measured  and  used  by  the  sub-contractor's  engineer,  models 
were  made  and  put  in  evidence,  and  tlie  differences  between  the 
two  methods  of  computation  amply  testified  to.  In  one  instance 
that  engineer  added,  according  to  his  own  measurements,  in  a 
prismoid  only  32  ft.  long,  439  eu.  yd,  of  excess,  and  this  in  soliil 
rock. 

The  following  from  "  Wellington's  Economic  Theory  of  Railway 
Location,"  correctly  and  concisely  states  the  -proper  use  of  the 
two  methods  of  calculating  volumes : 

"  The  nature  of  the  error  in  the  method  of  computing  by  aver- 
age end- areas  is  this:  The  error  increases  as  the  square  of  the 
difference  in  center  height,  and, is  not  in  the  least  affected  by  the 
absolute  volume  of  the  solid.  The  heavier  the  work,  therefore, 
or  tlie  less  the  sudden  changes  of  profile,  the  less  the  proportion- 
ate error.     That  cut  is  an  unusual  one  in  which  the  error  is  more 
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than  5  per  cent,  and  that  section  of  road  would  be  very  unusual 
oh  which  the  error  was  more  than  1  per  cent,  and  this  error  is 
always  in  excess.  There  are  indeed  certain  possible  solids  in 
which  the  error  will  be  In  deficiency  and  certain  others  (those 
whose  width  on  top  is  the  same  while  the  center  heights  differ,  or 
vice  versa)  in  which  the  end-area  method  is  precisely  correct, 
while  certain  methods  by  the  prismoidal  formula  which  appear 
much  more  exact  will  give  a  deficiency;  but  except  on  perhaps 
one  solid  in  a  thousand  averaging'  end  areas  alwiays  gives  an  ex- 
cess of  volume.    / 

"All  methods  of  computing  volume  by  first  transforming  the 
end  sections  into  equivalent  level-sections  introduces  a  constant 
tendency  to  deficiency,  and  for  that  and  other  reasons  are  worse 
than  useless  labor,  far  simpler  methods-  giving  a  more  accurate 
result.  The  proper  method  of  computing  earthwork  in  con- 
struction is  to  compute  by  end  areas  only,  and  then  at  any  later 
time  when  convenience  serves  to  determine  prismoidal  corrections 
for  those  solids  which  need  it  only,  which  are  those  differing 
by  more  than  two  or  three  ft.  in  center  height." 

In  Engineering  Kews,  Dec.  13,  1002,  I  deduced  a  simple  correc- 
tion formula  for  >calculating  earthwork  by  which  the  "  mean  end- 
areas  formula "  results  can  be  corrected  with  ease  and  rapidity. 
I  also  derived  the  following  rule  for  accurate  use  of  the  mean 
end-areas  formula: 

Take  cross-sections  so  close  together  that  no  cut  or  fill  shall 
exceed  by  more  than  50%  the  corresponding  cut  or  fill  in  the 
previous  cross-section;  except  that  where  the  previous  fill  is  0 
the  next  cut  tJr  fill  must  be  2  ft.  or  less. 

Classification  of  Excavation.  There  is  no  scientific  distinction 
between  earth  and  rock,  the  line  of  demarcation  being  entirely 
arbitrary.  Various  classifications  have  been  used  on  different 
works,  but  none  yet  devised  is  entirely  satisfactory,  and  no 
phase  of  earthwork  is  so  fruitful  of  disputes  with  contractors  as 
this. 

The  old  test  for  earthwork,  now  generally  discredited,  was  that 
material  which  could  be  plowed  liy  a  four-liorse  or  a  six-horse  team 
should  be  classed  as  earth,  and  all  other  material  as  rock.  This 
test  had  many  limitations  and  disadvantages.  Much  material 
exists  that  cannot  be  plowed,  yet  is  not  called  rock.  Plows  can- 
not be  used  at  all  on  the  rough  surfaces  of  steam  shovel  cuts, 
and  the  test  is  utterly  useless  on  frozen  ground. 

It  has  been  suggested  that  a  better  test  would  be  to  classify 
as  rock  all  material  in  which  holes  for  blasting  must  be  drilled; 
material  in  which  holes  for  blasting  can  be  made  by  driving  a  bar 
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at  a  specified  rate  per  minute,  would  then  be  classed  hardpan; 
and  material  in  which  a  bar  can  be  driven  at  faster  than  the 
specified  rate,  as  average  earth. 

A  better  way  out  of  the  difficulty  is  to  avoid  verbal  classifica- 
tion entirely,  marking  on  the  profile  what  the  materials  are  in 
each  cut,  and  specifying  that  payment  will  be  made^  for  materials, 
as  classified  on  the  profile,  and  not  otherwise.  Th'is,  of  course, 
involves  thorough  exploration ,  of  the  ground  during  the .  survey ; 
but  such  an  exploration  Should  usually  be  made  in  any  case. 

Specifications  for  the  Classification  of  Excavation  were  sug- 
gested by  James  H.  Bacon  in  a  paper  before  the  American  So- 
ciety of  Engineering  Contractors,  Jan.,  1910.  The  following  is 
taken  from  an  abstract  of  his  paper  appearing  in  Engineering 
and  Contracting,  Feb.  23,  1910: 

There  should  be  only  three  classes  of  excavated  material,  not 
including  excavation  under  water,  or  excavation  or  removal  of  any 
artificial  work  such  as  old  masonry,  etc.  These  three  classes 
should  be:  (1)  Solid  rock.  (2)  Loose  rock.  (3)  Common  ex- 
cavation. 

Common  Excavation.  In  many  specifications  the  dividing  line 
between  common  excavation  and  loose  rock  is  4etermined  by  the 
"plow  test";  this  test  should  be  discarded  entirely  as  unsatis- 
factory. There  are  thousands  of  acres,  which  may  in  the  future 
be  crossed  by  railways,  where  the  material  to  be  moved  has  not 
the  faintest  resemblance  to  rock  and  where  no  sane  man  would 
attempt  to  break  ground  with  a  plow.  The  plow  test  is  impos- 
sible, and  the  logical  result,  if  the  specifications  provide  this 
test,  is  that  such  material  must  be  classed  as  loose  rock. 

'Many  of  the  western  roads  have  discarded  this  test  and  specify 
that  "  all  material  not  classed  as  loose  or  solid  rock  shall  be 
common  excavation."  The  companies  using  this  specification  spe- 
cify that  loose  rock  shall  be  any  rock  that  can  be  removed  without 
blasting,  although  blasting  may  occasionally  :  be  resorted  to,  or 
any  rock  in  detached  masses  varying  in  size  between  given  limits, 
and  that  solid  rock  shall  be  rock  in  masses  that  cannot  be  re- 
moved without  blasting.  It  will  be  noticed  that  tlrese  specifica- 
tions require  a  definition  of  the  word  "  rook." 

Mr.  Bacon  submits  the  following  specifications  for  excavated  ^ 
material : 

In  these  specifications  the  word  "  rock "  shall  be  interpreted 
to  mean  any  portion  of  the  consolidated  material  forming  the 
crust  of  the  earth  which  has  a  greater  volume  than  1  cu.  ft. 
Unconsolidated  materials,  such  as  sand,  gravel,  clay,  hardpan, 
are  not  rock  under  these- specifications. 

Solid  Rock.     All  rock  in  masses  that  cannot  be  removed  without 
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drilling  and  blasting.  All  boulders  or  detached  pieces  of  rook 
that  measure  1  cu.  yd.  or  piore  in  volume. 

Loose  Rock.  All  rock  which  is  loose  or  soft  enough  to  be  re- 
moved without  blasting,  although  blasting  may,  at  the  option  of 
the  contractor,  be  occasionally  resorted  to.  Detached  pieces  of 
rock  measuring  in  voliime  from  1  cu.  ft.  to  1  cu.  yd. 

Common  Excavation.     All  material  not  solid  or  loose  rock. 

The  sizes  specified  for  boulders  and  detached  pieces  are  of  course 
subject  to  be  changed  acqording  to  varying  circumstances.  No 
tests  are  recommended,  as  the  writer  believes .  that  they  would 
serve  no  useful  purpose  and  tend  to  cause  complications. 

Excavation  Under  Water.  This  classification  should  be  applied 
to  ail  channels  and  pits  under  water  which  cannot  be  drained  by 
ditching.  The  price  or  prices  paid  should  be  per  cubic  yard  aiid 
should  cover  all  material  and  labor,  including  coffer  dains,  neces- 
sary to  do  the  excavation  required.  There  should  be  at  least  two 
classes  -^  i.  e.,  with  arid  without  coffer  dams.  In  many  cases 
special  specifications  would  be  necessary. 

Overhaul.  Overhaul  should  be  paid  for,  a  price  fixed  by  the 
company,  per  cu.  yd.  per  .  hundred  feet  beyond  the  free  haul, 
and  the  method  by  which  overhaul  is  to  be  calculated  should  be 
described.  The  price  should  equal  the  cost  of  the  work  and  is 
therefore  a  variable  quantity.  The  limit  of  free  haul  is  also  vari- 
able. Both  price  and  free  haul  limit  should  be  accurately  fixed 
for  each  section.  _' 

A  Gassiflcation  Accordliig  to  Difficulty  of  Picking.  Wm.  O. 
Lichtner,  in  Engineering  and  Contracting,  Sept.  17,  1913,  outlines 
a  system  of  classification  that  has  been  used  with  success  in  tak- 
ing time  studies  on  sewer  work. 

1  Many  varying  materials  were  encountered  on  this  work  rang- 
ing from  fine  dry  quicksand,  through  stiff  clay  to  solid ixoc^. 
Attempts  to  classify  and  study  these  materials  according  to  or- 
dinary- methods  were  unsuccessful  although  made  with  very 
great  care.  It  was  found  that  considerable  difference  existed 
from  day  to  day  in  the  cost  of  excavating  what  appeared  to .  be 
the  same  material.  ' 

A  new  set  of  time  studies  were  made,  adopting  a  new  classifi- 
cation based  on  two  variables,  first,  on  the  time  it  takes  to  pick 
the  material,  and  secondly  on  the  time  it  takes  to  sljovel  .the 
material  after  it  is  picked.  The  material  to  be  excavated  then 
would  be  designated  by  two,  capital  letters  like  BA.  The  first 
letter  always  designated  the  picking  element  and  the  second. let- 
ter the  shoveling  element.  By  time  studies  the  amount  of  time 
it  would  take  a  man  to  pick  one  cu.  ft.  of  material  was  deter- 
mined and  classified  as  B  picking;   also  a  time  per  eti.  ft.  was 
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determined  foi-  C  picking,  etc.  /  In  a  similar  manner,  time  per 
cu.  ft.  was  determined  for  all  kinds  of  shoveling.  The  pick- 
ing classifiication,  which  was  always  the  first  letter  and  always 
made  with  a  capital,  was  as  follows: 

A  —  No  picking  required. 

B — -Loosens  uniformly  into  fine  material,  with  n6  appreciable 
lumps,  and  picks  easily. 

C  —  Loosens  easily  into  .  its  component  parts  like  a.  non- 
homogeneous  material,  as  gravel  mixed  with  sand,  clay,  or  loam. 
Gravel  less  than  50%  and  not  large. 

P  —  Same  as  B  except  pick  does  not  enter  readily. 

E  —  Lgpsens  into  lumps  like  a  homogeneous  material,  not  as 
hard  as  J. 

T  —  Loosens  h^rd  in.tq  component  parts  like  a  non-homogeneous 
material  as  a  cemented  gravel. 

G — :^ooseiis  into  lumps  and  picks  hard  like  a  homogeneous  ma- 
terial which  is  brittle. 

H -7- Loosens  into  lumps.     Material  very  tenacious. 

I  —  Lppsens  into  large  lumps  with  very  little  fine. 

J  —  Loosens  hard  on  account  of  pick  striking  stones. 

K — -Loosening  small  boulders  in  trench  (1  man  size). 

L  —  Loosening  large  boulders  in  trench. 

M — Sledging  rock.       ; 

The  shoveling  classiCcation,  which  was  always  the  second  let- 
ter and  always  mad«  with  a  capital,  was  as  follows: 

A  —  Fi-hely  divided  material  which  heaps  up  on  shovel. 

B  — '  Finely  divided  material  which  does  not  heap  up  on  shovel. 

C  —  Lumpy  and  fine  material  mixed. 

D  —  Loose  material  like  sand,  clay,  or  loam,  mixed  with  small 
gravel. 

E —  Same  as  D  except  large  gravel. 

F  —  Finely  divided  material.  Can  be  spaded  easily  and  re- 
quires no  picking. 

G  —  Supersaturated  clay  which  can  be  shoveled. 

H  —  Supersaturated  clay  which  must  be  baled  out  in  buckets. 

I  —  Supersaturated  material  with  small  boulders  which  is  baled 
out  in  buckets. 

J  ^—  Sticky  material  which  adheres  to  shovel. 

K  —  Large  lumpy  material  which  averages  I  to  2  lumps  per 
shovel; 

L— ^Lifting  small  boulders  from  trench    (1  man  size). 

M  —  Lifting  large  boulders  from  trench. 

This  classification  has  been  used  with  great  success  for  some 
time  now  and  is  a  most  satisfactory  classification  for  practical 
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purposes.  The  determination  of  the  time  for  each  one  of  these 
items  is  a  matter  of  time  study,  which  can  be  readily  aco.om- 
plished..  Studies  will  have  to  be  made,  of  course,  to  take  care 
of  the  great  iiumber  '  of  variables,  and  tables  compiled  accord- 
ingly. , 

Railway  Specifications  of  Classification.  W.  F.  Dennis  pi*^- 
sented  a  paper  in  Trans.  Am.  Soc.  C.  E.,  June,  1907.  An  abstract 
of  this  paper  appears  in  Engineering  and  Contracting,  Jan.  30, 
Feb.  6,  and  April  10,  1907.     Mr.  Dennis  says  in,  part: 

Nearly  all  railroads  find  it  useful  to  retain  classification  in 
their  forms  of  agreement.  Such  classification  gives  a  solid  rock 
material  at  one  end  and  an  earthy  material  at  the  other,  with 
generally  an  intermediate  material  called  loose  rock,  and  fre- 
quently an  a(J4itional  hardpan  classification,  formerly  more  com- 
mon than  now. 

While  classification,  in  the'  opinion  of  some  roads,  leads  to  law  ' 
suits,  the'  writer  helieves  that  it  saves  money  by  reducing  the 
contractor's  risk,  a  matter  ^hat  could  be  accomplished  otherwise 
only  by  investigations,  not  always  practical. 

Is  it  practicable  to  make  a  test  Upon  the  materials  generally 
found  in  excavation  for  public  work?  As  a  fir^t  criterion,  a 
simple,  measurable  test,  easily  applicable,  and  defining  what 
should  be  properly  in  the  "  earth "  classification,  is  whether  or 
not  the  material  can  be  plowed  in  its  natural  state  by  a  definite 
plow  pulled  by  a  definite  number  and  weight  of  stock.  Whether 
this  material  is  moved  by  scraper,  grader,  cart,  ear,  wheelbarrow, 
or  steam  shovel,  what  is  meant  is  clearly  described,  namely  a  ma- 
terial which  a  designated  plow  will  produce  in  shoveling  condi- 
tion. This  description  excludes  from  the  earth  classification  some 
material  included  in  some  earth  specifications,'  and  includes  some 
material  which,  in  others,  is  classed  as  loose  rock  or  as  hardpan. 
As  will  be  seen  later,  earthy  material,  not  included  in  the 
"  earth  "  classification,  goes  to  an  intermediate  classification,  for 
convenience  and  other  considerations,  termed  "  loose  rock." 

The  reason  for  placing  the  earthy  material,  sometimes^ncluded 
in  earth  and  hardpan  ■  classifications,  in  the  loose-rock  classifica- 
tion, is  the  obvious  one  of  similarity  of  cost.  If  the  material 
is  too  wet  to  be  plowed,  as  in  case  of  Swamp  muck,  quicksands 
and  some  gumbos;  or  is  too  ha/d  to  be  plowed^  like  hardpan,  ce- 
mented gravel,  etc.,  holding  to  the  proper  theory  of  grouping  by 
rough  similarity  in  cost,  rid  designation  by  name  can  properly 
makei'it  "earth"  (in  a  cost  sense)'  for  all  appliances,  although 
it  might  be  for  some.  Additional  costly  work  iriay  be  required  to 
get  the  material  loaded  or  transported.  In  some  cases  the  cost 
of    unplowable    earthy,    material    may    approximate    and    exceed 
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that  of  solid  rock ;  but,  speaking  generally,  tjie  cost, is  somewjia^ 
similar  to  the  cost  pf  loose  rock,  and  such  material  is  mo^t  fairly 
included  in  that  classification.  ,  ,         , 

Preliminary  to  the  consideration  p|  a  physical  teat  for  ,8oM 
and  loose  rock,  the  following  (Jeflnitions  have  been  abstracted 
from  current  specifications: 

'r  .  ,  Solid  Rock 

New  York,  New  Haven  and  Hartford. — "All  rock  or  stone  con- 
taining one  cubic  yard  or  more."  (All  other  material  ig 
earth.) 

Erie.; — "  Rock  in  masses  exceeding  one  cubic  yard,  which  cannot 
be  removed  without  blasting." 

Pennsylvania. — "  Rock  in  masses  exceeding  one  cubic  ja,rd,  which 
cannot  be  removed  without;  blasting," 

Baltimore  and  Ohio.—"  Rock  in  solid  beds  or  masses,  which  may 
be  best  removed  by  blasting."      . 

Chesapeake  and  Ohio.T — "  Rock  in  ledges  and  detached  masses  ex- 
ceeding onerhalf  cubic  yard,  which  may  best  be  removed  by 
blasting."  r 

Norfolk- and  Western. — "Rock  in  masses  which,  may  best  be,  re- 
moved by  blasting."  ,    ,      . 

Southern. — "  Eock  in  masses  of  more  than  one  cubic  yard,  which 
may  be  best  removed  by  blasting." 

"  Big  Four."^f  Stone  in  solid  masses  or  ledges."  . 

Chicago,  Burlington  and  Quincy.jr','  Stratified  rock  weighing  more 
than  140  lb.  per  cubic  foot,.,yhich  can  only  be  removed  by 
blasting."  ■ 

Qiicago  ajid  Alton. — "  All ,  str,atifled  rock  an^,  rock  occui;ring  in 
masses  which  ,  can  only  be  removed  by  blasting  .  i.  .  must 
'  r,ing  under  hammer."  ,     ,   -        i      i . 

Great  Northern. — "Rock  in  place,  in  removing  which  it  Is; neces- 
sary to  resort  to  drilling  and  blasting."  , 

Atcbispn,  Topeka  and  Santa  Fe.^'  Eock  iji  solid  beds  or  masses  in 
its  original  or  stratified  position  .  .  .  pther  material  which 
can  be  removed  without  continuous  drilling  and  blasting, 
but  which  is  as-  difficult  ...  as  solid,  lime  or  sandstone." 

Illinois  Central. — "  Rock  in  solid  beds  or  masses  in  its.  origina,l 
position  .  .  .  which  may  best  be  removed  by  blasting." 
( Everything  else  classed  as  "  common  excavation." ) .    , 

Northern  Pacific. — "  All  rock  in  masses  tha.t  canpot  be  removed 
without  drilling  and  blasting."      ,  , , 

Missouri  Pacific. — "  Rock  in  solid  beds  or  masses,  In,  its  original 
position^  yhich  can  only  be  removed  by  continuous  blasting." 
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]What  is  "rock"  and  "stone"?     Notice  the  following;  defini- 
tions : 

Standard  Dictionary. —  Rock. — "The  consolidated  material  form- 
ing the  crust  of  the  earth.  .  .  not  excluding  beds  of  clay  or 
sand  ...  a  rock  may  consist  of  one  mineral  species,  as  lime- 
stone, or  of  several  intermingled,  as  granite  .>  .  .  massive 
rock,  a  rock  that  does  not  exhibit  itoliation  or  schistose  struc- 
ture." 

Stone.- — "  A  small  piece  of  rock.  Kock  as  a  material,  a 
piece  of  rock  shaped  for  a  specific  purpose.  Synonyms,  boul- 
ders, cobble,  mineral,  gem,  pebblg.*' 

Century  Dictionary.-^—  Rock. — "  The  mass  of  mineral  matter  of 
which  the  earth,  so  far  as  accessible  to  observation,  is  made 
up;  a  mass,  fragment  or  piece  of  the  crust,  if  too  large. to  be 
designated  as  a  stone.  The  Unconsolidated  stony  materials 
which  form  a  considerable  part  of  the  superficial  crust,  such 
as  sand,  gravel  and  clay,  are  not  commonly  designated  as 
rock  or  rocks;  the  geologist  .  .  .  includes  under  the  term 
rock  .  .  all  of  the  consolidated  materials  forming  the  crust, 
as  well  as  the  "fragmental  or  detrital  beds  which  have  been 
derived  from  it."' 

Stone. — "  A  piece  of  rbck.  The  name  rock  is  given  to  the 
aggregation  of  mineral  matter  of  which  tlie-  earth's  crust  is 
made  up.  A  small  piece  -or  fragment  of  this  rock  is  generally 
called  a  stone." 

Webster's  Dictionai'y. —  Rock. — ="  Any  natural  deposit  forming 
part  of  the  earth's  crust,  whether  consolidated  or  not." 

Stone. — "  Concreted,  earthy  or  mineral  matter  .  .  also 
ainy  particular  mass  of  such  matter.  lii  popular  language, 
very  large  masses  of  stone  are  called  rocks;  small  masses  are 
called  stones;  and  finer  kinds,  gravel  or  sand." 

Gillette's  "  Rock  Excavation." — "  Rocks  are  aggregates  of  one  or 
more  minerals,  or  the  disintegrated  products  of  minerals." 

These  definitions  do  not  help  to  clear  up  any  uncertainties  there 
may  be  in  railroad  classifications. 

Loose  Rock 

Erie. — "  Slate,  shale  or  other  rock  which  can  properly  be  removed 
by  steam  shovel,  pick  or  bar,  without  blasting,  altbough  blast- 
ing may  be  resorted  to  on  favorable  occasions  to  facilitate 
the  wor]^  .  .  .  detached  masses,  3  cu.  ft.  to  1  cu.  yd." 

Pennsylvania. — "  Stone  and  detached  rock  lying  iii  separate  and 
continuous  masses  containing  not  over  one  cubic,  yard;  also 
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all  slate  or  other  rock  that  can  be  quarried  without  blasting, 
although  blasting  may  be  occasionally  resorted  to." 

Baltimore  and  Ohio. — "  Slate,  coal,  shale,  soft  friable  sandstone 
and  soapstone,  detached  masses  3  cu.  ft.  to  1  cu.  yd." 

Chesapeake  and  Ohio. — "  Shale,  slate,  ochre,  which  can  be  removed 
with  pick  and  bar,  and  is  soft  and  loose  enough  to  be  re- 
moved without  blasting,  although  blasting  may  be  occasion- 
ally resorted  to.     Detached  masses  3  cu.  ft.  to  1  cu.  yd." 

Southern. — -"Soapstone,   shale  and  other   rock  which  can  be  re- 
moved by  pick  and  bar  and  is  soft  and  loose  enough  to  be-\ 
removed  without  blasting,   although   blasting  may   be   occa- 
sionally resorted  to.     Detaohtd  stone  1  cii.  ft.  to  1  cu.  yd." 

Norfolk  and  Western. — "  Shale,  soapstone,  and  other  rock  which 
can  be  removed  by  pick  and  bar,  and  is  soft  and  loose  enough 
to  be  removed  without  blasting,  although  blasting  may  be  oc- 
casionally resorted  to.     Detached  masses  1  cu.  ft.  to  1  cu.  yd." 

"  Big  Four." — "  Shale,  coal,  slate,  soft  sandstone,  soapstone,  con- 
glomeratje  stratified  limestone  in  Istyers  less  than  6  in. —  de- 
tached masses  3  cU.  ft.  to  1  cu.  yd." 

Chicago,  Burlington  and  Quincy. — "  Stratified  rock  which  can  be 
removed  by  pick  and  bar  weighing  more  than  140  lb.  per  eu. 
ft.     Detached  masses  3  cu.  ft.  to  1  cu,  yd." 

Chicago  and  Alton. — "  Stratified  ,rpck  which  can  be  remoyeid  by 
,  pick  and  bar  .  .  .  and  masses  between  3  cu.  ft.  and  ,1  cu.  yd." 

Great  Northern. — "  Slate  and  other  rock,  and  loose  enough  to  be 
removed  without  bljisting,  although  blasting  may  be  occa- 
sionally resorted  to.     Detached  stone  3  eu.  ft.  to  1  cu.  yd. 

Atchison,  Topeka  and  Santa  Fe. — "  Hard  shale  or  soapstone  .  .  . 
in  original  or  stratified  position,  Ijoulders  i^  gravel,  cemented 
gravel,  hardpan  ...  and  other  material  requiring  .  .  .  use 
of  pick  and  bar  pr  which  cannot- be  plowed  with  10-in.  plow 
and  6-horse  team." 

Illinois  Central.^- ( No  loose  rock.  Everything  but,  solid  rock 
classed  as  common  excavation.) 

Northern.  Pacific. — "  Slate,  soft  sandstones,  or  other  rock  that 
can  be  .  .  .  removed  without  blasting'-  .  .  .  detached  rock 
between  I  cu.  ft.  and  1  cu.  yd." 

Missouri  Pacific. — "  All  rock  .  .  .  which  requires  for  its  removal 
steam  shovel  or  pick  and  bar,  without  blasting,  although 
blasting  may  be  resorted  to  at  the  option  of  the  contractor. 
Detached  masses  1  to  18  cu.  ft." 

A  composite  view  of  the  several  descriptions  of  rock  and  loose 
rock  would  reduce  to  about  this:  Kocky  material  which  can  be 
removed  without  blasting  is  loose  rock ;  and  that  which  cannot  ia 
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solid  rock.  That  word  ''can"  is  the  whole  of  the  question,  the 
uncertainty  of  the  answer  to  which  causes  most  of  the  disputes 
about  classification. 

Taking  a  general  view,  the  difference  between  materials  in  a 
construction  sense  is  obtained  by  the  writer  from  consideration  of 
the  operations  necessary  in  loading  such  material.  Earth  is  a 
material  which  can  be  reduced  to  loading  condition  b^  plowing  or 
equivalent  inexpensive  picking  or  blastijig.  Loose  rock  is  a  ma- 
terial which  generally  can  be  put  into-  handling  shape  by  picking, 
barring  and  light  sledging,  or,  in  lieu  thereof,  by  moderate  blast- 
ing, but  it  is  riot  quite  as  easy  to  load  as  earth.  Solid  rock 
is  a  more  refractory  material,  requiring  drilling,  strong  explosives, 
and  general  sledging;  arid,  with  this  additional  expense,  is  not 
capable  of  reduction  to  a  loading  condition  as  favorable  as  the 
other  materials. 

Can  a  physical  uniform  test  be  applied?  It  is  known  that  cer- 
tain soft  or  fractured  rocks  can  be  picked'  or  barred  apart  with 
reasonable  rapidity,  and  customary  specifications  state  the  fact, 
but  do  not  state  the  rate.  By  definition  of  that  rate  the  classifi- 
cations of  rock  oan  be  clearly  defined.  The  writer  thinks  that, 
keeping  close  to  current  practice  in  classification,  the  rate  of 
disintegration  for  loose  rock  should  be  within  the  performance 
of  two  men  thus  employed.  A  material  requiring  mo.  j  than  two 
men  working  with  pick  and  bar  to  keep  one  shoveler  busy  is  cer- 
tainly a  material  that  "  may  better  be  removed  by  blasting  "  and 
which  "  can  only  be  removed  by  blasting,"  in  a  reasonable  sense. 

A  consideration  of  importance  is  the  size  of  the  rocky  mass  that 
must  be  exceeded  in  order  to  constitute  a  solidrrock  classification. 
In  hand-work  an  isolated  mass  of  3  cu.  ft*  can  be  handled  without 
much  difficulty  r  but  any-larger  mass  will  require  disintegration 
before  loading.  The  expense  of  this  disintegration  per  cu.  yd.. 
will  be  higher  than  that  for  disintegrating  masses  of  the  same  ma- 
terial which,  under  any  size  limit,  would  still  be  solid  rock.  In 
steam-shovel  work  very  considerable  masses  can  be  loaded  without 
disintegration,  and,  consequently,  without  much  real  extra  ex- 
pense. An  objection  to  a  small  size  limit  would  be  an,  apparent 
necessity  for  more  particularity  of  measurement.  As  to  that,  the 
separate  quantities  in  mixed  material,  in  practice,  are '  approxi- 
mated percentages,  and  are  as  easy  to  calculate  with  one  size 
limit  as  another.  Bearing  in  mind  the  theory  of  trying;  to;  fl$ 
classification  by  similarity  of  cost,  the  writer  thinks  that  J.'cu. 
yd. —  the  limit  most  frequently  specified  —  is  too  high;  3  cu.  ft., 
although  right  in  one  view,  is  probably  too  low;  and  that  the 
compromise  limit  of  %  cu.  yd.  would  be  about  right.-  This  limit 
was  formerly  common,  and  is  still  retained  in  some  specifications. 
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In  an  endeavor  to  set  forth  the  foregoing  more  clearly,  Mr.  Den- 
nis proposes  the  following  as  an  outline  classification:  ,,  ;, 

Excavation,  excepting  foundation  pits  for  structures,  elsewhere 
classified  separately  as  foundation  excavation,  shall  be  either  clas- 
sified or  unclassified,  as  may,  be  destermined  at  the  time  .of  the 
contract.     If  classified,  the  following  .classification   shall. applyt 

Earth. —  Material  which  in  its  customary  natural  conditijon  can 
be  plowed*— or  is  equivalent  to  a  material  which  can  be  plowed ^r- 
with  a  plow  cutting  a  furrow  10  in.  wide  and  10  in.  deep,  drawn 
by  a  team  of  4  horses,  or  mules,  each  having  an  average  weight 
of  1,100  lb.,  and  moving  at  a  reasonable  plowing  speed,  shall  be 
classified  as  earth.  ,         - 

Loose  Rock. —  The  following  shall  be  classified  as  loose  rook: 
Earthy  or  mixed  materials,  not  susceptible  of  plowing  under 
the  foregoing  test;  soft,  fractured,  disintegrated  or  other  rocky 
material,  soft  or  loose  enough  in  its  natural  condition, to  be  barred 
or  picked  afpart  by .  two  men  thus  employed  serving  one  man 
shoveling  or  loading  by  hand;  solid  J-ock  in  separate  masses  ex- 
ceeding I  cu.  ft.  each,  and  not  exceeding  %  cu.  yd.-  The  continr 
uous  or  occasional  use  of  explosives,  at  the  contractor's  option, 
shall  not  affect  the  classification,  but  it  shall  be  governed  solely 
by  the  test  above  set  forthr 

Solid  Rock. —  The  following  shall  be  classified  as  solid  rock : 
Rocky  material  in  masses  exceeding  %  cu.  yd.,  which  cannot  be 
broken  apart,  or  displaced  from  its  natural  position,,  except,  by 
the  use  of  explosives;  and  other  rocky  material  which  cannot  he 
picked  or  barred  apart  by  two  men  thus  employed  serving  one 
man  shoveling  or  loading  by  hand. 

Where  any  excavation  contains  material  of  more  than  one  clas- 
sification, the  relative  percentage  of  each' shall  be  determined  by 
measurement  and  observation  during  the  progress  of  the  work. 

For  heavy  steam-shovel  work,  Mr.  Den'nis'  opinion  is  that  there 
is  no  especial  benefit  in  a  distinction  by  classification  between 
loose  rock  and  earth,  and,  for  that  class  of  work,  a  classification 
for  solid  rock  and  another  for  all  other  material  would  be  suffi- 
cient; but  nearly  all  steam-shovel  work  involves  more  or  less 
miscellaneous  accessory  work. for  team  and  hand  appliances,  and 
the  loose-rock  classification  is  needful  for  them ;  furthermore,  clas- 
sification on  all  work  would  become  better  established  by  its  uni- 
form practice. 

Excavation  for  foundations  of  pipes,  masonry,  or  other  struc- 
tures, shall  be  classified  as  foundation  excavation  under  the  f ol' 
lowing  heads: 

Dry-Foundation  Excavation.  Material  of  whatever  nature,  ex- 
cepting solid  rock,  found  above  water  level; 
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.  'Rook-Foundation  Excavation.     Material,    elsewhere   defined   as 
solid  rock,  found  above  water  level; 

Wet-Foundation  Excavation. '   All  material  below  water  level. 

By  "water  level"  is  meant  the  average  or  mean 'level  during 
construction  at  which  pumping  or  bailing  bebomes  necessary  in 
the  work  of  excavating.  The  quantity  of  wet  excavating  shall  be 
computed  as  a  prism  having  a  height  equal  to  the  distance  between 
the  average  l^el  of  the  bottom  of  the  foundation  pit  and  the 
water  level  and  a  base  equal  to  the  area  of  the  foundation  course 
'plus  4  ft.  all  around.  The  dry  and  rock  excavation  quantities 
shall  be  computed  on  a  base  equal  to  the  bottom  area  of  the  wet 
excavation  as  labove  defined,  with  the  necessary  ^slopes  to  the 
natural  surface.  ,     , . 

Wet  excavation  shall  include  the  cost  of'  excavating,  piling, 
coiTer-djuns,  pumpiing,  bailing,  leveling  ofl  the  bottom,  and  the 
expense,  of  whatever  nature,  necessary  to  complete  the  founda- 
tion pit  from  low-water  level  to  the  lever  finally  determined  for 
the  bottom,  arid  to  maintain  the  foundation  pit  open  until  the 
structure  shall  have  been  placed  therein,  not,  however,  including 
the  placing,  of  iron,  timber,  or  piles,  in  permanent  artificial  foun- 
dations, these  items  being  paid  iov  under  a  separate  schedule 
elsewhere  described.- 

The  prices  for  ail; classes  of  foundation  excavation  shall  include 
the  cost  of  removing,  the  spoil,  and  depositing  it  in  adjoining 
fills,  or  of  wasting  the  spoil,  if  such  deposit  in  fills  bc' not  re- 
quired i  by  the  engineer;  and  also  the  cost  of  removing  such  por- 
tions df  cofferidams  as  the  engineer  may  require,  for  appearance 
or  for  reducing  obstruiytion' to  the  waterway.  ^         ' 

Mr.  Dennis'  paper  brought  forth  much  discussion  in  which  it  is 
interesting  to  note  that  most  of  those  who  favored  a  classification 
had  one  of  their  own  to  propose.  The  following  discussion  was 
contributed  by  the  author-  of  this  work : 

It  would  be  difficult  to  select  any  work  so  hard  to  define  in 
words>  as  the  classes  of  excavation.  Earth  merges  by;  insensible 
degrees  into  hardpan  or  shale ;  hardpan  and  shale  merge  into 
conglomerate  and  slate  by  equally  insensible  degrees;  geologically; 
there  is  no '  dividing  line  between  what  is  called  "earth  "and 
what .  isi 'called  "  rock."'  This  facti  is  well  illustrated  in  the  dic- 
tionary definitions  ciited^by  the  author,  aiid  it  is  shown  even  better 
by  the  definitions  found  in  textbooks  on  geology. 
.  .'It  may  be  seen,  therefore,  that  some  arbitrary  test  should  be 
prescribed  to  differentiate  rock:  i  from  earth  When  difl'erent  prices 
a^-e  to  be  paid  for  each.  The  ancient  "plow  test"  has  many 
adherents,  but  in, its  usual  form  it  is  probably  more  productive 
of  legal  trouble  than  any  other'  clause  ever  devised  'by  an   en- 
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gineer.  Some  years  ago  the  State  Engineer  of  New  York  suffered 
most  unjust  criticism  because  of:  supposedly  unf aif~  classification 
of  excavation  by  the  plow  test,  and  his  retirement  from  office  was 
probably  due  in  large  measure  to  this  lUijuBt  dritifeism. 

The  writer,  while  on  the  editorial  staff  of  Engineering  News  in 
1903,  wrote;  a  series  of  editorial  articles  criticizing  specifications, 
and  he  recalls  having  written  one  suggesting  an  earth  classifica- 
tion test  somewhat  similar  to  that  proposed  by  Mr.  Dennis.  In- 
stead of  specifying  a  furrow  10  by  10  in.,  however,  he  suggested 
a  minimum  number  of  cu.  yd.  loosened  per  10-hr.  day  by  a 
6-horse  plow.  It  still  seems  to  the  writer  to  be  a  much  better 
plan  to  specify  in  cubic  yards,  ifor  the  cubic  yard  is  the  unit  of 
cost,  and,  after  all,  the  object  is  to  secure  some  definite  cost 
classification.  A  10  by  10-in.  furrow  cut  by  four  horses  means 
nothing  very  definite  unless  the  amount  of  useful  work  is  .specified, 
either  by  naming  the  average  speed  of  cutting,  or  the  average  num- 
ber of  cu.  yd.  to  be  loosened  in  a  given  time:  but  why  limit 
"  earth  "  to  such  easy  material  as  can  be  loosened  by  four  horses? 
Ten-horse  plows  are  very  common  in  the  West,  where  driving  with 
a  jerk-linB  is  practiced.  There  is  a  serious  objectionto  the. plow 
test  wherever  work  is  to  be  done  with  steam  shovels,  and  the 
objection  is  that  it  is  practically  impossible  .'to  apply  the  test 
in  maiiy  cases.  In  a  through  cut,  for  example,  the  top  4  ft.  of 
material  may  be  loam,  below  which  may  lie  an  indurated  clay  of 
hardpan  consistency.  The  steam  shovel  exposes  a  vertical  face 
upon  Tvhichi  no  plow  test- can  be  made;  unless  this  4-ft.  stratum 
is  stripped,  the  plow  test  is  of  no  use  on  the  surface.  The  bot- 
tom of  the  pit  may  be  solid  rock.  Of  what  practical  use  is  the 
plow  test  under  such  conditions!      '  •  . 

Many  other  conditions  might  be  mentioned  to  show  the  exceed- 
ing difficulty  of  applying  a  plow  test  in  a  satisfactory  manner. 
One  more  will  suffice.  In  soil  of  glacial  origin,  lensea  of  hardpan 
are  frequently  encountered,  surrounded  by  gravel,  sand,  or  shot 
clay.  It  is  impracticable  to  strip  these  lenses  in  steam-shovel 
work  for  the  purpose  of  using  a  plow  test,  and,  without  stripping, 
no  such  test  is  possible. 

The  plow  test,  therefore,  may  serve  in  plow  work,  but  it  is 
practically  useless  in  much  of  the  work  done  by  steam  shovels. 

What  test,  then,  shall :  be  applied  ?  In  the  writer's  book  on 
earthwork,  the  suggestion  is  made  that  excavation  be  classified 
by  samples  taken  from  specified  locations  on  the  profile.  No 
practical  method  of  specifying  with  any  degree  of  exactitude  seems 
pQssible  to  the  writer,  and  a  varied  experience,  embracing  exca- 
vation at  different  places  across  the  A,mericaii  continent,  has 
served  to  emphasize  this  conclusion. 
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It  is  true  that  this  method  of  "specifying  by  samples  "  invplves 
digging  test-pits  and  sinking  bore-holes,  but  the  writer  is  firmly 
convinced  that  no  engineer  ever  spent  a  dollar  that  returned  a 
greater  dividend  than  the  one  spent  in  ascertaining  the  character 
of  the  excavation  before  the  award  of  the  contract. 

On  any  extensive  piece  of  excavation,  earth  should  be  dug,  and 
rock  should  be  blasted,  by  the  engineer,  to  ascertain  its,  quality, 
as  well  as  to  determine  the  relative  quantities  of  each  class.  The 
engineer  who  cannot  persuade  his  employer  to  go  to  this  extra 
expense  is  hardly  fit  to  be  in  charge  of  the  work;  or,  if  he  is 
fit,  he  does  himself,  an  injustice,  in  not  resigning  if  his  advice  is 
ignored.  '  • 

The  American  Railway  Engineering  and  Maintenance  of  Way 
Association  Classification  as  given  in  the  Manual  for  1915  is  as 
follows : 
Olassificaiion. 

17.  All  material  excavated  shall  be  classified  as  "  Solid  Rock," 
"  Loose  Rock,"  "  Common  Excavation,"  and  such  additional  classi- 
fications of  material  as  ms^  be  established  before  the  award  of 
th6  contract. 

18.  "Solid  Rock"  shall  comprise  rock  in  solid  beds  or  masses 
ill  its  original  position  which  may  be  best  removed  by  blasting ; 
and  boulders  or-  detached  rock  measuring  one  cubic  yard  or  over. 

.19.  "  Loose  Rock  "  shall  ooinprise  all  detached  masses  of  rock 
or  stone  of  more  than  one  cubic  foot  and  less  than  one  cubic  yard, 
and  all  other  rock  which  can  be  properly  removed  by  pick  and 
bar  and  without  blasting;  although  steam  shovel  or  blasting  may 
be,,  resorted  to  on  favorable  occasions  in  order  to  facilitate  the 
Work. 

20.  "  Common  Excavation "  shall  comprise  all  materials  that 
do  not  come  under  the  classification  of  "  Solid  Rock,"  "  Loose 
Rock,"  or  such  other  classifications  as  may  be  established  be- 
ford  the  award  of  the  contract. 

Factors  Affecting  the  Cost  of  Earthwork.  These  are  many. 
Not  all  can  be  determined  beforehand  but  it  is'  well  that  "they 
all  be  kept  in  mind  so  that  the  extent  to  which  an  estimate  is  a 
guess  may  be  known.     Some  of  the  factors  are : 

1.  Location. 

2.  Climate. 

3.  Time  of  year  duriflg  which  work  is  to  be  done. 

4.  The  quantity  of  earth  to  be  moved.  . 

5.  The  position  of  the  earth  to  be  moved. 

6.  The  amount  and  nature  of  clearing  and  grubbing. 

7.  The  average  depth  of  cut. 


3«  HANDBOOK  OP  EARTH  EXCAVATION 

8.  The  kind  of  earth: 
!).  The  length  of  haul. 

10.  The  hauling  conditions,  including  grades. 
•   IT, 'Ground  water  conditions. 

12.  The  square  yards  of  surface  of  cut  and  fill  that  must  be 
trimmed. 

13.  The  disposition  made  of  excavated  material. 
'  I '  ]  4.  The  method  of  compacting. 

15.  Wage  rates  and  prices. 

16.  The  interest  rate  on  money. 

Most  of  these  factors  cannot  J)e  considered  independently  but 
their  ,reIa.tion  to  each  other  must  be  borne  in  mind.  Thus,  the 
type  of  excavating  equipment  used  is  not  only  a  factor  tlia,t 
affects  the  cost  but  is  itself  determined  by  existing  conditions.. 

Location  is  of,  chief  importance  in  respect  to  its  relation  to 
lin,es  of  transportation.  This  , is  especially  true  on  work  in- 
volving the  use  of  heavy  machinery  which  away  from  .railroads 
is  moved  on,ly  ni  great  expense. 

The  Climate  Tiaa  a  greater  effect  tm  earthwork  costs  than  is 
generally  recognized.  Local  contraptors  know  more  or  less  what 
to,  expect;  and,  like  farmeTs,  their  losses  through  bad  weather 
one  year  are  ma(ie  up  fpj,  by  favorable,  weather  in  another.  A 
firm  taking  a  single  earth  work  contract  or  takinig  one  in  a 
strange  Ipcation,  should  consider  the  climate  most  carefully.  Ex- 
tremes pf  heat,  and  cold  slqw  up  outdoor  work,  and  storms  stop 
it  ,p.ll  together.-  Profit  or  loss  may  depend  on  the  number  of 
days  available  for  working  during  the  season. 

The  Time  of  Year  that  work  is  to  be  done  considered  in  rela- 
tion to  clim3,te,,and  other  factors  will  largely  determine  the 
conditions  encountered.  Muddy  roads  in  the  spring,  dusty  roads 
in  the  late  summer,  and,  above  all,  snow  and  frozen  ground  in 
the  winter  add  to  the  cost  of  earthwork. 

,T,he  Quantity  of  Earth  to  be  Moved  ia  the  chief  factor  for  de- 
termining the  means  to  be  employed  for  moving  it.,  It  is  im- 
possible to  state  any  quantity  or  range  of  quantities  of  excavation 
as  best  suited  to  a  particular  type  of  machinery,  as  it  is  often 
more  economical  to  use  equipment  on  hand  than  to  purchase 
more  elaborate  machinery. 

The  Position  of  the  Earth  to  be  moved  is  shown  on  the  plans. 
A  mass  of  eartji  may  be  under  water,  and  require  dredging;  or 
it  may  be  along  the  slope  of  a  hill  ■where  it  can  be  cast  down 
with  steam  shovels;  or  it  may  be  through  the  center  of  a  hill 
permitting  attack  from  the  ends  only,  as  in  deep  railroad  cuts. 
These  conditions  not  only  affect  cost  but,  are  factprs  in  deter- 
mining the  means  of  excavation. 
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The  Amount  dm.d  Nature  of  Clearing  and  Grulihmg.  Costs  of 
clearing  are  always  determined  by  the  area  to  be  cleared  and 
the  growth.  Grubbing  costs  on  the  other  hand  depend  equally 
on  the  method  of  excavation.  Deep  steam  shovel  cuts  require 
no  grubbing.  Scraper  work  requires  grubbing  and  ground  moved 
with  elevating  graders  must  be  most  carefully  grubbed.        ^ 

Depth  of  Cut.  Material  at  the  bottom  of  deep  cuts  is  often  com- 
pacted into  a  condition  hard  to  excavate.  Deep,  long  cuts  permit 
the  use  of  powerful  machinery  with  a  minimum  amount  of  shift- 
ing, and  are  therefore  generally  cheaper  to  excavate  than  shallow 
cuts. 

The  Kind  of  Earth.  No  earthwork  on  a  new  locality  can  be 
closely  estimated  without  first  digging  test  pits  the  full  depth  of 
the  proposed  excavation.  The  common  method  of  driving  a  steel 
bar  into  the  ground  is  oftten  very  deceptive,  for  it  may  not  dis- 
close the  existence  of  quicksand,  or  of  numerous  scattered  boul- 
ders; and  even  hardpan  may  be  penetrated  with  a  bar.  Test 
pits  are  costly  to  dig  and  many  methods  of  making  borings  are 
resorted  to.  These  usually  bring  up  the  material  in  a  thoroughly 
loosened  condition  so  that  its  original  consolidation  can  finly  be 
judged  by  the  difficulty  of  boring.  Results  of  wash  drilling  for 
this  purpose  may  be  very  deceptive.  At  least  one  test  pit  should 
b  opened  as  a  means  of  interpreting  every  series  of  test  bor- 
ings. 

The  Length  of  Haul  is  generally  shown  on  the  profile  oi  rail- 
road work.  On  other  work  it  is  not  so  well  shbwn  and  should 
be  investigated.  Beyond  a  rather  short  limit  a  light  railway 
furnishes  the  cheapest  means  of  haulage,  and  if  it  is  used  the 
length.-  of  haul  is  of  relatively  less  importance  than  the  ability 
to  load  and  dump  trains  rapidly. 

Hauling  Conditions.  Light  railways  are  more  easily  main- 
tained in  muddy  weather  than  wagon  roads.  Wagons,  on  the 
other  hand,  can  operate  over  steeper  grades  and  greater  irregu- 
larities. Truck  haulftge  is  of  greatest  advantage  where  somebody 
else  pays  for  the  roads.  Whatevfer  the  means  of  hauling  adopted 
a  grade  against  the  movement  of  material, will  add  materially 
to  the  cost. 

Ground  Water.  The  presence  of  water  always  increases  the 
difficulty  and  cost  of  excavation.  If  cuts  are  not  self-draining 
means  of  pumping  must  usually  be  provided,  and  when  the  work 
gets  below  the  ground  water  level  pumping  must  be  constant. 
Excavations  in  springy  hill  sides  will  be  hard  to  handle  even  if 
of  sueh  a  nature  as  to  drain  themselves. 

Trimming  Cuts  and  Emhankments  is  seldom  paid  for  as  a 
separate  item.     An  estimate  based  on  the  number  of  sq.  yd.  of 
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trimming  involved '  should  be  included  in  the  price  bid  for  exca- 
vation. ~ 

Dispositiom  of  ExcavAted  Material.  If  material  is  to  be  used 
in  an  embankment,  its  disposition  is  clearly  indicated,  otherwise 
dumpiiig  space  must  be  provided. 

I'he  Compacting  of  Embankments  for  railroads  and  levees  is 
usually  left  to  nature.  For  structures  requiring  artificial  con- 
solidation the  method  to  be  used  is  specified  in  detail.  Usually 
water  is  required  and  will  have  to  be  carried  to  the  work.  The 
cost  involves  not  only  spreading,  wetting  and  rolling,  but  dump- 
ing in  thin  layers  will  be  more  expensive  than  dumping  hap- 
hazard. '  '     ,        •       i    , 
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CHAPTER  III 

BORING  AND  SOUNDING 

Prospecting  or  Testing  Earth.  It  Is  usually  advisable  to  make 
an  "  underground  survey  "  of  earth  that  is  to  be  excavated,  par- 
ticularly if  it  is  likely  to  be  variable  in  character,  or  if  rock, 
boulders,  or  hardpan  inay  be  encountered.  For  this  purpose  the 
following  means  may  be  employed: 

1.  Soundings. 

2.  Wash  Drilling. 

3.  Earth  Augers. 

4.  Posthole  Diggers. 

5.  Cable  D^riHs. 

6.  Diamond  Drills. 

7.  Test  Pits. 

8.  Test  Trenches.  ; 

Soundings.  The  -word  sounding  is  used  to  designaite  the  driving 
of  a  rod  into  the  earth,  the  object  being  to  ascertain  the  depth 
to  rock  or  hardpan  or  to  determine  the  presence  of  boulders. 

Wash  Drillmg.  Wash  drilling  consists  in  sinking  a  "  casing 
pipe"  inside  of  which  is  a  smaller  "wash  pipe"  through  which 
water  is  pumped.  The  water  raises  the  earth  to  the  surface. 
Where  boulders  are  encountered,  small  blasts  may  be  fired,  or  a 
chopping  bit  may  be  used  to  brealLiip  a  small  boulder. 

Earth  Augers.  Modified  wood  augers  are  frequently  used  to 
bore  holes  in  earth,  either  with  or  without  the  use  of  a  casing 

pipe- 

Posthole  Diggers.  For  shallow  test  holes,  posthole  diggers 
of  various  types  are  available._     • 

Cable  Drills.  ~  For  deep  holes,  cable  drills  of  the  well-drill  type 
are  often  used.  This  type  of  drill  is  fully  described  in  my 
"  Handbook  of  Rock  Excavation." 

l!)ia<irkond-  Drillsv  yy here  there  are  niany  boulders  or  where  it 
is  desired  to  obtain  cores  of  the  bed  rock^  diamond  drills  are 
often  used,  as  described  in  my  "  Handbook  of  Rock  Excava- 
tion." „  :,'''■'. 

Test  Pits.  Test  pits  are  small  wells  dug  to  ascertain  the  char- 
acter of  the  earth. ' 

Test  Trenches.  These  are  more  often  used  in  prospecting  for 
mineral  ledges  than  for  testing  the  character  of  earth  to  he 
excavated.  It  is  well,  however,  to  bear  in  mind  that  on  sidehill 
work  trenches  can  be  frequently  excavated  very  cheaply  by  the 
use  of  hydraulic  "  giants."  ,        , 

Importance  of  Prospecting  Excavations.     Considering  the  rela- 
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tively  slight  cost  of  testing  the  character  of  earth,  it  ia  surprising 
how  seldom  underground  surveys  are  made.  Engineers  have  been 
too  much  given  to  guessing  at  the  percentages  pf  each  class  of 
excavation.  Seldom  has  the  cost  of  extensive  railway  or  canal 
work  been  correctly  estimated,  because  of  erroneoiis  assumptions 
as  to  the  character  of  the  excavation.  Almost  microscopic  care 
has  usually  be  exercised  in  ascertaining  the  total  quantity  to-be 
dug,  but  with  next  to  no  attention  given  to  the  exceedingly  im- 
portant fact  of  quality  to  be  dug. 

Sounding  is  a  cheap  and  rapid  method  of  prospecting  for 
rock  or  hardpan.  A  rod  or  pipe  may  be  driven  to  depths  of  20 
or  30  ft.  with  a  maul  or  drop  weight.  ,  If  varying  materials  are 
encountered,  sounding  may  be  extremely  unreliable  {is  a  stratum 
of  hard  sand  or  gravel  may  Be  mistaken  for  solid  rock.  The 
usual  manner  of  t,esting  for  this  is  by  striking  the  rod  a  smart 
blow  with  a  hammer.  If  its  end  is  on  solid  rock  the  rod  should 
rebound  and  should  ring  with  a  clear  metallic  tone,  whereas  on 
gravel  or  hard  pan  it  will  riot  rebound  and  will  not  give  a  clear 
ring.  The  presence  of  a  boulder  may  cause  this  test  to  be 
deceptive.  '     ' 

A  Jointed  Sounding  Rod.  M.  L.  Hastings  in  Engineering 
News,  June  29,  1889,  described  the  sounding  rod  illustrated-  in 
Fig.    I.    The   rod   itself   is   made   of   seamless   cold-drawn    steel 
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Fig.  1.     Jointed  Sounding  Bod. 


tubing,  %  in.  in  exterior  diameter,  i^  in.  thick  in  section,  and 
8  ft.  long.  The  sections  are  joined  and  plugged  with  a  steel 
plug  with  thread  out  to  screw  into  the  end  of  other  sections. '  The 
advantages  of  this  type  of  joint  is  that  a  smooth  outside  surface 
is  obtained  throughout  the  \ength  of  the  rod.  The  rod  has  three 
points:  (1)  The  blunt  one  for  testing  the  bottom;  (2)  the 
long  one  for  going  through  crust,  etc.;  and  (3)  the  pod  point  for 
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bringing  up  samples.  The  cross-bar  is  attached  to  the  rod  by- 
means  of  a  movable  block  of  hardened  steel  on  the  face  of  which 
(next  to  the  rod)  are  cut  teeth,  the  block  being  held  in  place 
by  a  wedge  attached  to'  the  bar  with  a  small  chain.  The  mov- 
able block  is  ^kept  from  ifalling  by  a  pin  in  the  back  of  the 
cross-bar. 

A  Sc[uare  Sounding  Rod.  W.  L.  Goodhue,  in  Engineering  News, 
May  11,  1889,  describes  an  effective  boring  outfit  shown  in 
Fig.  2.  This  apparatus  cost  about  $25  and  was  easily  con- 
structed. It  could  bore '  through  earth  to  depths  of  28  to 
30  ft.  

The  drill  was  formed  from  a  1-in.  square  iron  rod,  with  a 
chisel-shape  bit  about  %  in.  wider  than  the  rod.  A  square 
rod  penetrated  more  easily  than  a  round  rod  and  was  more 
readily  raised.  The  upper  half  of  the  rod  was  drilled  with  a 
%-in.  hole  every  20  in.  Through  this  hole  an  iron  pin,  about 
3  in.  long,  with  an  eye  on  one  end,  was  inserted  for  holding  the 
lifting  chain.  The  iron  cross-bar  was  made  of  bar-iron  I14  in. 
square,  4  ft.  long.  It  was  reinforced  with  1  in.  of  iron  at  the 
eye  through  which  the  drill  rod  passed.  One  side  of  the  eye 
was  tapped  for  a  %-in.  set-screw  which  held  the  cross-bar  to 
the  rod.  The  rod  was  lifted  and  forced  down  by  men  on  the 
ground,  assisted,  if  necessary,  by  other  men  on  the  timber  plat- 
form ;  a  total  of  3  men  being  employed.  When  diflSpulty  was  ex- 
perienced in  lifting  the  rod  the  levers  illustrated  were  used. 
Plenty  of  ^ater  was  used  for  puddling  the  hole. 

A  Light  Pile  Driver.  For  sounding  the  thickness  of  earth 
over  rock  on  the  Welland  Canal  a  pile  driver  is  described  in 
Engineering  News,  Apr.  8,  1915.      -- 

The  pile  driver  was  about  25  ft.  high  and  weighed  about  200 
lb.,  so  that  if  was  easily  portable  by  two  or  three  men.  It 
carried  a  133-lb.  hammer  operated  by  hand  through  a  single  line 
over  a  sheave  at  the  top  of  the  leads.  A  bar  3  in.  in  diameter, 
shown  in  Figi  3,  with  an  upset,  head  and  tenon  joint  into  which 
a  driving  point  was  fitted,  was  driven  to  rock.  A  new  driving 
point,  at  a  cost  of  2  ct.,  was  provided  for  each  operation,  the 
old  one  being  left  in  the  hole.  For  pulling  the  bar  a  clamp 
in  the  shape  of  a  bifurcated  cone  was  fitted  under  the  head 
of  the  bar  and  the  pile  driva-  rope  slung  around  the  clamp  to 
the  bar  and  lifted  the  bar  at  the  same  time. 

This  Tig  was  used  extensively  oh  the  \Yelland  Canal  to  locate 
the  rook  surface,  and  later  was  used  in  Nova  Scotia  where  it 
worked  ahead  of  a  steam  shovel,  making  blast  holes"  for  small 
shots  to  break  up  a  shaly  formation. 

Samples  of  the  Material  Penetrated  may  be  secured  by  driv- 
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ing  or  screwing  a  hollow  tube  into  the  bottom  of  the  hole.  An 
open  ended  pipe  provided  at  the  end  with  sharp  teeth,  iiiaybe 
twisted  into  the  material,  and '  then  withdrawn,  carrying  with 
it  a  sample  in  the  form  of  a  plug  filling  the  hollow  oi  the  pipe. 
The  E.  G.  Hunt  &  Co.  sampler  for  marl  is  illustrated  in  Pig.  4. 
This  tool  is  forced  down  the  depth  desired-  and  then  turned 
half-way  around,  filling  it  with  a  sample  of  the  material.     The 
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Fig."  3.-   Bar  and  Attachments  for  Rock  Sounding  Pile  Driver. 


Michigan  Gfeological  Survey  Marl  sampler,  illustrated  in  Fig.  5, 
is  used  for  obtaining  samples  of  material  in  a  semi^liquid  state. 
In  operation,  the  plug  is  held  firmly  against  the  mouth  of  the 
pipe  by  means  of  the  rod  and  the  whole'  tool  is  pushed  the 
desired  depth.  The  pipe  is  then  raised  while  the  rod  is  held 
stationary,  and  is  pushed  down  to  .its  former  position^  The 
whole  tool  is  then  raised,  the  plug  and  pipe  being  held  tightly 
together.  - 

A  Soil  Sampler.  ■  A  device  designed  by  R.  R.  ^Ryan  is  shown 
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in  Fig,H6,  •  which  is  takeiii  from  Engineering  ..and  Contracting, 
Nov.  21,  1917.  The -de  vice  consists  of  an  outeri  section,  composed 
of  6-in.  light  weight  well  icaaing,  which.  > is:  forced  down  by  a 
weighted  platform.  The;  innet;  section  is  made  of  '5-in.  ■  light 
weight  well  casingi  and:  carries:  the  cutter.  The  tWo  sizes  of 
casing   rest;  snuglyi- hut. inoti' tightly   so   that  the'  barrel   moves 
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Fig.   4.     Sampler   for'  Marl   Made   by  [  Robert   G.    Hunt   &    Co., 
Chicago,  111. ; 


freely  within  the  outer  case.  The  arrangement  was  first  used 
in  190!)  in  bringing  up  samples  of  the  soil  at  the  site  of  Florence 
Bridge,  Florence,  Ariz. 

Wash  Borings.     These  can  be  made  to  depths  beyond  the  reach 
of  sounding.    Like  soundings  they  may  be  '  deceptive.     The  ma- 
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Fig.- 5.    Sampler  for  Liquid  Marl;  Michigan  Geological  Survey. 

terial  washed  up  will  show  whether  the  bit  is  working  in  clay 

or  gravel,  but  it  is  so  broken  uj^^and  mixed  with  water  that  it 

does  not  indicate  the  compactness  '  of  the   underlying   material. 

Boulders  can  be  mistaken  for  Ifedge  rodkj  and  any  fine  sand,  for 

quicksand. 

1    In  general  the  wash  drill  consists  of  a  small  pipe  contained 
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in  a  larger  pipe.  The  inner  pipe  is  used  for  carrying  water 
under  pressure  down  into  the  hole  where  it  loosens  material 
which  is  washed  up  and  out  oi  the  larger  pipe.  The  outlet  pipe 
is  lowered  as  the  inner  one  progresses,  at  an  Interval  depending 
'on  the  material.  Sand  and  gravel,  Being  apt  to  -cave,  require 
that  the  outer  ^pipe  be  kept  close,  whereas  considerable  advance 
can  be  made  in'  Hay  'without  casing. 

Although  it  is  rcustomary  to  use  a  2-in.  casing  pipe  with  a 
1-in.  water  pipe  inside,  a  4-in.  casing  and  a  %-m.  water  pipe 
(not  contracted  at  the  bottom)  may  be  preferable  where  large 
gravel  must  be  washed  out  of  the  hole.     If  gravel  is  so  large 
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Fig.  6.     Half  Section  of  Soil  Sampler. 

that  it  will  not  pass  between  the  water  pipe  and  the  casing,  two 
expedients  are  available.  The  gravel  tmay  be  broken  up  or 
pushed  aside  with  a  heavy,  blunt; drill,  or  one  with  a  star-cutting 
bit,  which  can  be  lifted  with  a  block  and  fall  suspended  from  a 
light  tripod.  The  other  method  consists  in  using  a  ".sand  pump  " 
or  "  pipe  bucket "  with  a  valve  at  its  bottom.  Lifting  and  drop- 
ping a  sand  pump  with  short,  quick  strokes,  will  fill  it  with 
material  not  too  large  to  pass  its:  valve. 

Tests  made  by  boring  holes  require  careful  observation  and 
intelligent  interpretation  if  they  are  to  prove  reliable.  In  wash 
borings,  especially  when  the  water  used  is  under /great  pressure, 
the  natural  tendency  is  to  indicate  coarser  material  than  is  really 
encountered,  bedause  the  fine  material  is  carried  off,  and  "the 
greater   portion '  of  the  particles   remaining   iii   the   sample  pail 
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Pig.  7.    New  York  Wash  Boring  Rig, 
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are  large  in  sl/o.  Clay  and  silt  appear  to  be  sand  and  sand 
appears  to  be  gravel.  To  remedy  this,  dry  samples  should  be 
taken  occasionally,  and  the  discharge  pipe  should  be  covered 
with  bagging  in  order  to  catct  as  much  of  the  finer  ma>terial 
as  possible. 

jIn'  ^e  i  report  oh,  tt^e  Commission  on  Additional  Water  Sup- 
plies for  the  City  of  New  York,  rendered  in  1903,  by  Messrs. 
Burr,  Herring  and  Freeman,  are  given  descriptions  and  illustra- 
tions of  hand-operated  wash-boring  machines  used  for  driving 
test  holes.  There  were' four  types  of  rigs  used:  (1)  the  New 
York  rig;  (2)  the  Boston  rig;  (3)  the  Providence  rig;  (4)  a 
rig  designed   by  the   Conjmission.  ' 

The  New  York  rig  is  illustrated  in  Fig.  7  and  is  the  outfit 
commonly  empToyed  about  New  York  by  the  Brooklyn  water 
djepartment  for  driving  2-in. ,  service  and  test  holes.  The  essen- 
tial features  are  a  heavy  wooden  base  about  2  ft.  high,  4  hammer 
guide-rods  erected  on  this  base,  a,  cast  dron  head  which  holds 
the  guide  rods,  and  a  small  lead  rope  wheel  through  which 
the  lead  from  the , hammer  passes  to  a  handle  with  two  cranks. 
The  hammer  weighs  about  150  lb.  and  is  automatically  tripped. 
The  maximum  drop  is  S%  ft.  A  %-in.  wash  pipe  and  an  inex- 
pensive 2^^-in.  foiee  pump  with  a  delivery  of  8  to  10  gal.  of  water 
per  min.  are  commonly  used  for  this  machine.  This  size  pump 
does  not  deliver  water  at  sufficient  pressure 'to  wash  up  gravel 
larger  than  peas,  however.  This  rig  does  not  permit  continuous 
washing  and  driving,  the  wash  pipe  being  advanced  several' feet 
below  the  bottom  of  the  casing,  but  it  usually  washes  holes  larger 
than  the  casing  and'  will  permit  more  rapid  progress  than  will 
the  other,^'igs.  It  does  not  produce  samples  as  accurate,  how- 
ever. 

The  Boston  rig  is  shown  in  Fig.'  8.  In  general  it  consists  of  a 
hollovy  cast  steel  driving  head,  ,2^-in.  casing  with  ll^-in.  side 
discharge,  and  2  hammers  of  idOil^nd  200  lb.  weight,  a  wash  pipe 
of  1-iri.  section  and  special  wash  drills,  and  a  double-acting 
force  pump,  with  a  1%-in.  suction  hose  and  a  1-in.  discharge 
hose.  A  force  of  four  men  (one  foreman  and  three  laborers) 
was  required,  in  addition  to  the,  driyer  of  the  water  wagon; 
two  men  worked  on  the  hammer, 'one  on  the  pump  and  one  on 
the  wash  pipe  and  handling  the  water.  \  .  s 

The  Providence,  fig  like  the  Boston  rig  is  of  the  continuous 
wash  type  but  the  method  of  operating  the  hammer  is  essentially 
different,  as  will  be  seen  from  Fig.  9.  The  hammer  is  raised  and 
dropped  by  men  working  on  a  platform.  The  pump  successfully 
used  with  this  type  was  similar  to  those  used  on  the  Boston 
rig.     The  weight  of  the  men  of  the  platform  was  of  little  value 
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Fig.  8.    Boston  Wash  Boring  Rig. 
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in  lowering  the  casing  and  made  it  difficult  to  keep  the  casing  in 
a  vertical  position.  The  sane  cjew  was  required  as  for  the 
Boston  rig.  ,  ' 

TJw,~  rig  finally  adppted  by  the  commission  is  illustrated  in 
Fig.  10.  This  Vas  patterned  alter  the  Boston  rig.  The  yoke 
and  small  pulleys  were  replaced  by  2  large  gin  wheels  suspended 
at  the  peak  of  a  12-ft.  pipe  derrick.  With  this  rig  it  was  pos- 
sibjie  :to  secure  dry  samples  by  driving  a  ly^-iu.  pipe  3  or  4  ft. 
into,  the  material  -at  the  bottom  of  the  casing.  A  force  of  4  men 
and  1  driver  was  employed/with  this  rig.  The  cost  of  the  rig 
compJete  was  about  $150. 

Altogether  332  test  hol^s  (2-in.)  were  driven  a  distance  of 
11,605  ft.  The  total  cost  of  the  work  i's  shown  in  Table  I.  In 
the  loose  gravels  of  the  Southshore  of  Long  Island  boring  cost 
about  60  ct.  per  ft.,  but  in  the  compacted  till  on  the  northernly 
portion  where  dynamite  was  used  the  cost  ran  up  to  $2  per  ft. 
or  more.  This  work  was  more  costly  than  the  average  work,  for 
it  is  not  generally  customary  to  place  more  than  one  engineering 
inspector  on  several  outfits.  Moreover,  casings  are  usually  pulled 
and  the  pipes  used,  repeatedly,  and  water  can  ordinarily  be  piped 
from  a  town's  supply.  The  cost  of  labor  was,  $1.75  per  day 
except  during  the  first  few  weeks.  After  deducting  15  ct.  per 
ft.  from  the  iteAi  of  inspection,  10  ct.  per  ft.  from  that  of 
teams,  and  10  ct.  per  ft.  from  cost  of  pipe,  the  tota,lV  cost  reduces 
to  85  ct.  per.  ft.  which  is  probably  nearer  the  usual  cost  of 
such  work.     / 

TABLE   I.    COST  OF   LONG   ISLAND   WASH   BORING 

-  -  Cost  per  ft. 

i>£  pipe 

'■ ,  .  E.  Total  ctriven 

Item                        '-  .-.  cost  (11,605  ft.) 

SuperiDtendence,   inspection,   engineering   $2,815  $0,243 

Labor:    foremen,    $3    and    $3.50    per    day;    laborers, 

$1.50  and  $1.75   , 5,074  0,437 

Teams :/$3  and  $3.50  per  day  1,612  O.KS 

Transportation,  fares,  livery,   freight,  ex])ress   560  0.048" 

Cost  and  rental  of  boring  rigs 619  0.053^, 

Two-in.  pipe,  perforated  pipe,  points 1,724  ,        0.149,  i 

Misc,  expenses,  sample  bottles,  cases,  blasting,  etc..  315  0.027  Vi 

':    -o^.  :.J'      "*  -     &:■£  f  !.    "  

Totals    -ii«i-»Tiv-,-pn«-r^^-. ,-,..,..,...     $12,719-  $1,096     ,_ 


Wash  Borings,  New  York  State  Canal  were  made  along  the 
possible  routes  of  a  proposed  fhip  canal  in  New  York  between 
the  Great  Lakes  and  the  Hudson  River,  as  described  in  Engineer- 
ing and  Contracting,  Mar.  27,  1007.  A  very  complete  abstract 
of  that  article  is  given  in  my  "  Handbook  of  Cost  Data." 

Cost  of  Well  Drill  Borings  at  Stanley  Lake.     I  am  indebted  to 
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a   report   by   M.   E.   Witham  published  ;  in   Engineering   Record, 

r-fNpv/ja?^   1909,  •&>?.  the  follojving"  data  "of  the  method  and  cost 

,of  making  wash  drill  borings  for  the  Stanley  Lake  Dam  pear. 

Denver,    Colorado.     This    dam    had    a    length ,  at    the    crest    of 

9A4ft  ft.  and  a  test  hole  was  sunk  every  20(}  ft.  on  the  axis  of 

the  dam,  and  at  intervals/of  100  ft.  on  the  line  gf  the  outlet 

structure  under  the  dam  to  depths  of  from  20  to  80  ft.     The 

!— gite_  of  "fhe  borrow  pits  from  which  piateria'J  was  to  be  taken  was 

also  "bored.  ''  .  ,  :        \  ■ 

The  drill  used,  of  the  spudding  type, '  was  a  No,  4,  8-hp., 
combination  hollow-rod,  Cyclone  machine,  mounted  on  a,  4-wheeled 
truck.  Holes  2^  in.  in  diameter  were. drilled  with  1%-in.  hollow- 
rods  having  a  center'  bore  of  i^!  in.:  i 

The  operating  force  consisted  of  a  drill  runner,  a  fireman,  and 
a  sample  collector.  Coal  and  water  were  delivered  by  team. 
Coal  cost  f3  per  ..ion  at  a  mine  7,  mi.  distant.^  .The  water  was 
brought  from  adjacent  irrigating  ditches.  The;  drill  runner  re- 
ceived $5  per  day  and  boardj  the  fireman  $2, '  the  sanlple^  col- 
lector $3,  and  the  team  and  driver  regularlyf -employed  $4. 
Extra  teams  and  drivers  cost  at  the  rate  of  80  ct.  per  day 
for  the  entire  time  occupied  by  the  work.  The  first  9  days  were 
occupied  largely  in  putting  the  drill  in  proper>  shape.  The 
average  time  consumed  in  taking  down  the  drill,  moving  200  ft. 
and  setting  up  was  2  hr.  and  cost  about  $3.  In  satisfactory 
material  drilling  cost  30  ct.  per  ft.  of  hole;  about  10  ft.  of  hole 
per  hr.  was  drilled.  In  troublesome  material  where  casing  was 
required  the  cost  was  60  ct.  per  ft. 

Maximum  Cost  Hole: 

Depth,  ft. 

Surface- clay,  mixed  sand  and  gravel  5,5 

Yellow   mud    10.2' 

*  Yellow  clay   24.0' 

//Blue  clay    32.0i  ., 

"     (hard)     47.9\ 

(soft)     48.9  \ 

"     ')'      (fine)     65.0    \ 

"       "      (light) 71.6       \ 

"      (hard)     72.4     \, 

"       "      (soft)     ,.  83,5 

Total  depth  reached  90.0 

Expenses: 

Salaries    $58,60 

Board  ■.., 6.00 

-  .~^-,    Goal .....^„,..,,,^,..., ......„..^...  2.10-           ^ 

Cost  of  90  ft.  at  J0,74 $66,70 

Minimum  Cost  Hole: 
1  i  :  , ,  Depth,  ft. 

Surface  clay  and  sandy  yellow  clay  6.0 

Mixed  blue  and  yellow  clay  19.0 
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Depth,  ft. 

Blue  play   (hard)    40.0 

Total  depth  reached  60.0 

■  '       '  ■  '  >  .1 

Expenses:  ,.  .,< 

Salaries    $13.50 

Board    ., 1.50 

Coal   .■.•■... 1.00 

Cost  of  60  ft.  at  $0.27  $16.0p 

Total  for  2,481  ft.  drilled: 

Salaries    $    567,00 

Board    133.20 

Coal    . .  ^ 62.26 

Teams 330.00 

Repairs,  supplies,  etc.   50.00 

$1,142.45 
68.50 

Total,  2,481  ft.  at  $0.43  $1,073.95 

Cost,  of  Borings  at  Cristo'bal,  Panama.  E.  B.  Karnopp  gives 
the  following  information  in  Engineering  News,  June  16,  1910. 

Wash  drill  and  diamond  drill  borings  were  made  to  determine 
the  material  beneath  a  proposed  dock  for  the  Panama  Railroad 
at  Cristobal.  The  pipe  used  in  earth  consisted  of  a  line  of 
casing,  2^  in.  in  diameter,  in  the  interior  of  which  was  a  line 
of  hollow  rod  1%  in.  in  diameter.  A  tripod  derrick  drum  and_ 
wheel  attachment  was  employed  for  hoisting  the  pipe..  The  tri- 
pod was  of  2  X  4  in.  and  4  x  4-in.  timber,  and  was  18  ft.  high. 
Six  men  were  able  to  carry  it  when  folded.  The  casing  was 
made  in  5-ft.  lengths  with  flush  joints,  the  first  section  having  a 
flaring  toothed  cutting  edge.  In  sinking,  this  pipe  was  revolved 
with  chain  tongs,  and  was  assisted  occasionally  in  its  descent 
by  an  iron  jar  weight  of  100  lb.  The  hollow  rflds  were  5  and 
10  ft.  in  length,  the  lowest  one  being  fitted  with  a  chopping  bit 
and  the  top  one  with  a  water  swivel.  In  work  where  the  wash 
drill  process  was  too  slow  to  be  economical,  a  hand-power  dia- , 
mond  drill  was  used.  For  details  of  diamond  drill  outfits  and 
the  method  and  cost  of  their  operation  see  my  "  Handbook  of 
Rock  Excavation." 

For  boring  holes  under  water  a  staging  was  erected  on  piles. 
Water  was  obtained  from  the  city  mains.  Boring  operation 
occupied  7  months,  and  over  a  length  more  than  a  mile  235  holes 
were  drilled.  ,, 

The  equipment  comprised  3  drills,  each  operated  by  a  white 
foreman  and  6  negro  laborers.  Pipe  laying,  staging;building, 
the  handling  of  material,  and  all  surveying  work  was  done  by 
an    extra   gang    of    6    to    10    laborers.     Foremen    received    $150 
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gold  per  month  and  laborers  13  to  18  et.  United  States  currency 
per  hr.     A  recorder  and  draftsman  were  also  employed. 

The  following  table  gives   the  total  coat  and  the  amount   of 
work  done. 

15.183.1  ft.  of  earth  borings,  at  $0,587  per  ft $  8,917.25'. 

1,217  ft.  of  rook  borings,    at  $2,536  per  ft 3,087:42 

16.400.2  ft.  Total  at  average  cost  $7,319  per  ft.. $12,004.67 

Cost  per  ft.  . 

Eartli  Rock 

.-Supervision  and  surcharge   $0,054  $0,227 

For«man 107  .449 

Labor  drilling 147  .616 

Extra  gang  and  driver  ;.. 124  .520 

Drafting  and  recording   ; ^  . .        .070  ■  .292 

Materials    consumed    065  .349 

Repairs     020  .083 

Totals $0,587  $2,636 

Wash  Borings,  Winnipeg  Aqueduct.     Douglas  L.  McLain,  in 

Engineering  and  Contracting,  April  7,  1915,  gives  the  following: 
Wash  borings  were  made  for  the  Intake  Site  and  at  the  Falcon 
River  Crossing  with  a  "string  of  tools"  which,  though  complete 
for  the  purpose,  was  not  as  elaborate  as  that  necessary  for  deep 
drilling.  The  list  of  equipment  with  cost  of  same,  given'  in 
Table  I,  may  be  used  for  reference  when  similar  work  is  con- 
templated. '  !  • 

TABLE    I.    LIST;  ANDf  .COST  OF  EQUIPMEJTT  FOR   MAKING  WASH 
BORINGS   ON   WINNIPEG   SHOAL   LAKE  AQUEDUCT 

.—    :■-!'.  Unit 

I       ,  Quantity  and  description                                                       price,  Cost 

60  ft.  214-in.  extra  heavy  pipe  (drive  casing), in  5-ft.  lengths.    $0.57  $  28.50 

'Cutting 'and  threading  pipe  '..'i 5.00 

50,ft.l14:in.    heavy    pipe,    five    4-£t.    lengths    and  ;six;  5-£t.        ;,    • 

lengths , ,.., 25  12.50 

'Cutting  and  threading  pipe  '. : . . '. : .  '    3.30 

10  2}4-in.   couplings    i 16  1.60 

11  lM,-in.   couplings    r-fr! "8  .88 

I'malleable  IVt-in.  tee .'.';.'.;'.' :7 16  .16 

1 /double  (run  10-in.  wooden  block  ..-...>.  .i; .,.....[..      1.85  1-85 

60  ft.  %-in.  manila  rope,  per  lb 14     ,       1.4ft 

lihand  force  pump  R.  470  —  30  gal.  per  minute  '.•.'".'      7.00   '  '       7.00 

2'24-in.  Stillson  -wrenches    .i; i^.-.i lUtd      2.B5)  '        4.50 

15  ft.  1%-in.  discharge  hose  30  4.6tt 

20  ft.  2-in.  suction  hose  .'.':'. ..'.'.';'..';.        .35  7.00 

11^-iiri,'"  street  elbow    .'. ., '...        .15  .15 

1  H4- in.  coupling  for  hose   30  .30 

1  2  X  1%-in.  bushing   10  .itf 

1  IV^-in.  short  nipiple  ; 10  .10 

1  VA  X  2-in.  nipple ,.        .10  .10 

1  drive  weight- 7  in.  diameter  by  15  in.  long,  ^-ih.  hole  all 
the  way  through  long  dimension,   widened  to  S'A  in. 

from  4  in   below  top  to  top  ,..., 

3  ft.  of' Vi-in.  flexib'le  wire  rope  for  handle 5.60  5.60 
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Quantity  and  description  price  *  Cost 
2  1%-in.    ctiopping    bits    of    drill    steel    with    H4-in.    theads 

,  8  in.,  long   $6  00  S  12  00 

6  pair?    lumberman's    rubbers,    tiyo    buckles,    sizes    10,  "ii  »«->!" 

and  12  '. -  ^^  ,      '  tRQ  ,g  'gn 

1  pipe  vise, to  take  2i^in.  to  1%-in.  piije  ..... ...W^".'.'.]]'.'.'.]  .200  :  .2'oo 

1  2-in.   foot  valve ; ] . ;.  ^g  '*"K 

1  machinist's   haiamer    ,-        I'm  ^'nn 

2  c6ld  chisels ["["':'.]'.'.'".  35  .      70 

1  pair  iac-kK,  2  in.  b.v  18  in.,  with  handles !..!!!!!.'."!!!!      680  is'eo 

Steer  S]>indles  for  same,  per  lb 10  120 

2  sleeve  couplings,  H4-in.  W.  T ........'.         10  20 

.  3  sleeve  couplings,  2*^-in.  W.  T 16  '40 

2  H4-in.  nipples,  6  in.  long .06  .12 

.2  l'/4-in.,tai%-in..  reducing  couplings   !         10  20 

2  1%-in .  nipples,  6  in.  long  08  16 

6  1-gal.   pails    .;;        'jl         •    126 

'  1  pint  machine  oil,  black  I5  ig 

1  2-in.  nipple,  6  in.  long .^ 'lO  10 

1  recovering  tap    ...{'..'. ;.....  3.75  37B 

2  sister  hoolca 2.50  5.00 

1  clasp_  for  2V4-in.  pipe   2.00  2  00 

1  hoistmg  rlug   1.75  1.75 

6  couplings  for  li4-in.  pipe  (extra)   .08  .48 

1  ice  chisel .«. 3.50  3.50 

2  axes.    3^4-lb.    .....:. 1.25  2.50 

1  air  tight  heater   ,      2.10  2.10 

IJength  stove  nipe    10  .10 

3' chain  tongs.  No.  33  Vulcan 4.50  9.00 

2i  pairs    extra    leather     (front    and    back)     for    piston    of 

,     Meyer's  low-down  force  pump   35  1.40 

,3  loss  for  tripod '.  ...-. 

Delivery  from  C.  P.  R.  station  to  site  (18  miles)   12.10 

Total :    $171.54 

With  this  equipment,  the  process  of  sinking  the  test  holes  was 
very  .simple  and  iLsually  was  as  follows: 

The  derrick  or  tripod,  consisting  of  three  logs,  was  set  up 
over  the  station  where  a  hole  was  cut  through  the  ice  and  the 
depth  of  water  obtained  by  sounding.  After  this  suitable  length 
of  casing  was  put  down;  at  the  same  time  a  hole  for  the  pump 
suction  was  made  and  a  fire  started  in  the  heater  to  warm 
water,  which  facilitated  the  thawing  of  the  tools.  Then  drill 
rods  of  the  required  length  with  chopping  bit  on  lower  end  and 
hoisting  water-swivel  on  upper  end  connected  to  derrick-rope 
and  by  hose  to  the  force-pump,  were  put  down  inside  the  casing. 
The  position  of  the  bottom  of-  the  casing  and  the  drill  rods 
having  been  noted,  the  drill  rods  were  churned  up  and  down  by 
means  of  rope  over  block  attached  to  tripod.  At  the  same  time 
water  was  forced  down  the  center  of  these  rods  to  the  outlet 
in  chopping-bit  and  then  up  between  the  rods  and  the  casing. 
The  chopped  material  brought  up  by  tlie  water  .jet  was  noted 
by  the  leader  in  charge  of  the  work.  To  sink  the  casing,  chain 
tongs  were  attached  and  it. was  rotated.  This  rotation  or  turn- 
ing of  the  casing  to  keep  it  free  from  sticking  to  the  material 
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drijled  through,  wag  the  detail  that  added  most  to  the  speed  of 
work,  not  only  in  sinking  the  casing,  but  more  especially  in  the 
pulling  of  the, "pipe.  This  method  of  sinking  the  casing  was  not 
practical,  at  all  tiines  and  in  such  eases  the  drive  weight  was 
Used  to  pound  the  casing  down.  After  it  had  been  used  it  was 
necessary  to  use  two  jacks  to  draw  the  pipe.  As  the  hole  was 
sunk  either  by  rotation  of  casing,  or  driving,  constant  watch 
was  kept  of  the  position  of  the  bottom  of  the  easing  and  the 
drill  rods,  together  with  careful  note  of  the  materials  brought, 
up  by  the  water  jet.  For  this  particular  piece  of  worki  at 
Ihdian  Bay  it  was  found  advantageous  ~  to  use  a  force  of  one 
leader  or  foreman  and  four  laborers. 

The  progress  that  can  be  made  under  winter  conditions  and 
the  cost  of  same  is  given  in  Table  11.  This  gives  total  and  aver- 
age figures  on  the  footage,  the  materials  encountered  and  the 
labor  and  foo;d  costs  and  should  be  of  use  for  inforniatipn  when 
similar  work  is  contemplated.  The  force  on  this  work  usually 
consisted  of  V  topographer  at  $3.95  and  3  laborers  at  $2.55  each, 
or  1'  foreman  at  $2.80  and  4  laborers  at  $2.70.  The  work  was 
done,  with  the  exception  of  one  day  in^  December,  between  Jan. 
9  to  Feb.  27,  1914.  The  thickness  of  ice  ranged  iairly  gradually 
from  1.46  ft.  oii  Jan.  9  to  2.60  on  Feb.  9.  Oii  that  day  the  tem- 
perature dropped  to  — 35°  and  work  was  discontinued  until 
.Febi  24,  when  the  temperature  was  +5°  at  7  A.  m.  and  the  thick- 
ness of  ice  was  3.17  ft. 

TABLE  II.    WASH  BORINGS  AVEEAGE   COST  DATA  FOR 

WINNIPEG  AQUEDUCT 

Depth  01  —                                                                               Totals  Average 

Water    , ^  523.0  .  ;. 

Muck 45.3 

'  '  Cliay    '.' 594.2  

Sand     73.7  ...... 

Gravel    31.7  ...'.',. 

Depth  of  material  bored  744.9  27:6 

Total  length  of  casing,  includes  ice,  water  and  material    1,267.9  47.0 

Labor  and  food  cost   $404.75  $15.00 

Cost  per  ft.  below  lake  bottom $0,541 

Total  cost  per  ft.  of  casing  in  ice,  water,  material  ,, $0,319 

Wash  Borings  for  Railway  Valuation  Work.  George;  H. 
BuTgess,  in  Engineering  News^Record,  April  5,  1917,  gives  the 
following:  Like  other  roads  the  Delaware  and  Hudson  has  sec- 
tions—  along  the  shores  of  Lake  Champlain,  for  example-^ 
where  there  has  been  much  subsidence.  The  records  showed  much 
of  this,  but  were  incomplete.  Wash  borings  were  resorted  to; 
and  the  company  profited  more  or  less  by  the  experiences  of 
other  roads   that   faced   the   problem   sooner.     Bids    were   asked 
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for,  but  they,  co^itained  so  many  conditions  that  the  company 
decided  to  doi  the  wpr)i  liy,  company  forces. 

Two  simple  outfits  were,  niade,  in  the  company's  shops.  In 
addition,  two  Sheffield  hand-'cara  and  four  standard  track  jaclss 
were  bought,  and  a  6x20-ft.  scowboat  was  built  for  use  where 
the  flu  crosses  bays  of  Lake';Cham^lain. 

The  working  force  consisted  of  one  foreman  at  $2.85  per  day, 
five  men  at  $2.75  and  a  recorder  at  $50  per  month.  The  fore- 
man and  his  men  were  also  :.allowed  $1  each  per  day,  and  they 
lived  in  a  maintenance-of-way  boarding  car,  cooking  their  own 
meals.  They  were  eompahy  bridge  carpenters.  The  recorder  was 
a  rodman  from  the  survey  party,  and  his  expenses  were  about 
$2.25  per  day.     The  cost  of  borinig  outfits  was  as  follows: 

2  double  A-lrame  dirimng  outfits   .;. 5299.22 

4  standard  track  jdcks  i 43.36 

2  Sheffield  hand-cars' .' 63.00 

1  boat     .......;:; 101.30 

Total    .:..........,; , . , $506.88 

In  a  report  by  Mr!  MansfleldJHhe  company's  valuation  engineer, 
it  is  pointed  out  that  the  outfits! can  be  used  to  great  advantage 
by  the  maintenance-of-way  department  When  the  valuation  de- 
partment is  through  with  them.' 

By  the  use  of  the  outfits  over  an  aggregate' of  about  12  miles, 
1,870,883  cu.  yd.  of  filling  material  and  45,603  cu.  yd.  of  riprap 
were  discovered.,  •  This  work  was  done  at  a  total  cost  of  $1,570 
exclusive  of  plant  investment  or  at  a  cost  of  31.82  ct.  per  lin.  ft, 
inclusive,  or  25.56  ct.  exclusive,  of  the  recorder.  The  total  cost 
per  yd.  of  all  material  disclosed,  was  less  than  0,1  ct,  per  cu.  yd. 

'Wash  Borldgs  on  the  Ashokan  Dam  Site.  A  'paper  by  J.  S. 
tangthorn,  in  -Engineering  and  Contracting,  June  23,  1909,  de- 
scribes the  methods  used  in  malcing  wash  and  diampnd  drill  bor- 
ings for  the  Ashokan  dam  site  in  the  Catskill  Motmtains.  The 
diamond  dr^ll  work  is  described! in  my  "Handbook  of  Rock  Ex- 
cavation," ai&  are  also  the  pressure  tests  of  the  bore  holes  to 
determine, 'the  seaminess- of  ther*rock. 

The  methods  used  to  interpret  results  of  wash  boring  on  this 
work  were  of  special  interest.  One  ,man  was  able  tQ'itake  care 
of  four  boring  rigs,  and  one  test  pit,  and  to  take  ground  water 
observations"  on  completed  holes._  He  took  samples  on,-holgs  in 
progresSj  water  observat,ipna  ^  op  completed  ..holes,  assisted  in  lo- 
cating holes  and  made  monthly  estimates  on  test  pits.  A  one- 
hprse  conveyance  was  used  to  travel  from  one  boring  to  anotjier, - 
when  they,  were  at  some  distance,  and  also  to  carry  core'boxps, 
sample  bottles,  marking  boards,  etc. ' 
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Dry  and  wash  samples  were  placed  in  small  bottles,  corked  and 
cai'eMly  labeled.  These  were  placed  in  drawers  which  were 
systematically  arranged  and  so  Subdivided,  thit  the  samples 
from'any  hole  could  be  readily  found.  '  ' 


Fig.  li.     Outfit  for  Making  Wash  Borings  on  Ashokan  Dam  Site. 


Upon  being  rempved  from  the  core  barrel  oif  the  boring  ma- 
chine  all  cores   were   stored   in   core-boxes.     Each   box   contained 
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room  for  four  rows  of  core  in  the  bottom  of  the  box  together 
■with  tiiree  slielves  for  three  rows  each.  A  box  would  hold  about 
37  ft.  of  core,  whicli  generally  represents  about  40  ft.  of  actual 
drilling.  ^  ,  :    .i 

■  The  core  was  labeled,  boxed  and  stored  in  a  small  portable 
building  shelved  on  all  sides,i  where  the  core  boxes  were  properly 
painted  with  number  and  depth  of  hole.  Here  they  were  readily 
available  ■  for  future  inspection.  In  addition  to  the  core  boxes, 
cabinets  containing  drawers  were  provided  for  filing  the  samples. 

Instructions  io  Inspectors  of  Borings.  A  copy  of  the  following 
instructions  was  given  to  each  inspector  for  his  guidance: 

These  borings  and  test-pits  are  being  made  to  ascertain:  The 
character  of  the  overlying  material;  the  elevation  of  bed-rock; 
the  quality  of  this  rock  and  incidentally  all  data  that  would  aid 
'  in '  the  selection  of  thei  best,  dam  site. 

■  In  order  to  get  an  accurate  determination  of  these  conditions 
much  depends  upon  the.  faithfulness  and  good  judgment  of  the 
observer.  His  interpretation  of  the  material  must  be  b^sed  on 
the  samples  taken,  and  careful  observation  of  the  mechanical 
operations  of  the  machines  and  the  wash  which  comes  up  through 
the  casing.  The  following  are  some  of  the  general  rules  which 
the  inspector  should  be  careful  to  note. 

1.  Observe  very  carefully  the  character  of  the  material  washed 
up  and  the  color  of  the  escaping  water.  Upon  the  proper  in- 
terpretation of  the  above  depends  very  much  the  value  of  the 
test  'hole;  for,  no  matter  how  good  or  how  accurate  the  samples 
may  be,  the  true  nature  of  the  ground  is  best  obtained  by  ob- 
serving the  mechanical  operations  involved.  For  instance,  the 
wash  may  be  clayey  while  the  sample  will  contain  no  trace  qf 
clay;  but  the  observer  should,  record  clay  present  as  .noted  from 
the  discoloration  of  the  escaping  water. 

2.  Take  a  sample  for  every  10  ft.  driven  and,  if  the  material 
changes  rapidly,  a  sample  should  be  taken  at  every  decided 
change.  Should  less  tjian  10  ft.  be  made  in  a  day,  one  sample 
will  then  be  sufficient.  There  are  two  methods  of  taking  samples 
of  ^materials.-  A,  the  dry  method,  B,  the  wash  method. 

A,  the  drj/  method,  is  by  far  the  more  satisfactory  when,  very 
accurate  results  are  required.  It  is,  however,  an  expensive  and 
tedious  method  of  procuring  results.  A  l%rin.  perforated 
wrought-iron  pipe  is  driven  into  the  material  below  the  casing. 
The  pipe  has  holes  in  it  so  that  the  water  may  be  easily  displaced 
when  the  sample  of  compact  material  enters  ithe  bottom  of ;  the 
pipe.  For  sand  or  material  which  would  fall  out  of  the  sample 
pipe  on  being  lifted,  a  "  sand  spoon  "  is  used,  a  pipe  with  a  closed 
pointed  end,  with  a  slit  or  opening  about  1  ft.  from  the  point. 
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This  is  driven  into  the  material,  and,  on  pulling  it  up,  the  sand 
enters  the  spoon  and  is  so  brought  to  the  surface.  In  this,  way 
the  material  is  obtained  just  as  it'  exists. 

B,  the  wash  method,  is  as  follows:  In  a  tub  or  a  ha,lf -barrel 
With  a  glass  panel  in  one  side,  the  wash,  which  comes  up 
through  the  casing,  is  allowed  to  flow.  If  conditions  are  right 
and  the  tub  becomes  full,  it  is  placed  at  one  side  and  abo,U|t  a 
teaspoonful  of  hydrochloric  aeid  mixed  with  water.  The  action 
of  the  hydrochloric  acid  is  very  decided.  It  takes  about  30  min. 
to  settle,  while  with  no  acid,  it  would  take  half  a  day.  The 
settlement  of  the  material  may  be  seen  through  the  glass  panel. 
When  settled,-  siphon  off  the  clear  water  and  the  washed  sample 
remains.  Fill  a  sample  bottle  with  the  material,  label  with 
date,  depth  of  hole  and  description  of  material. 

Take  dry  samples,  owing  to  their  expense,  only  of  material 
which  may  be  regarded  as  porous,  i.  e.,  sand  and  gravel,  sand, 
Or  sand  with  a  little  clay;  otherwise  the  wash  sample,  combined 
with  the  proper  observations,  will  serve  all  general  purposes. 
'Jv  fever  take  a  sample  directly  after  a  hjast,  nor  when  the  wash 
pipe  is  too  faT'  ahead  of  the  casing.  The  best  iime  is  when  the 
wash  pipe  is  about  3  in.  ahead. 

3.  Make  a  concise  record  of  the  action  of  water  in  all  boring 
operations.  Should  the  water  forced  down  the  wash  pipe  fail 
to  come  to  the  surface  again,  it  should  be  recorded  as  "  lo^ng 
#ater."  This  would  signify  that,  the  material  is  water  bearing 
or  porous,  or  it  may  be  a  seam  or  cavity  such  as  may  Sexist  in 
rock.  Should  the  water  stay  at  the  top  of  the  pipe  it  would  show 
the  impervious  nature  of  the  underlying  material.  The  water 
may  flow  out  of  the  top  of  the  casing,  indicating  that  a  stream 
of  water  has  been  encountered  with  a  greater  head  than  that  in 
the  pipe. 

4.  It  will  not  be  sufficient  to  report  a  material  as  "  clay  and 
saiid,"  for  clay  and  sand  in  different  proportions  and  under 
different  conditions  may  vary  from  a  very  soft  material  to  hard- 
pan.  They  may  be  stratified  or  exist  as  separate  pockets  or 
closely  intermingled,  and  all  these  conditions  may  be  upset 
when  water  is  present.  A  proper  description,  should  read  as 
follows  f 

From  90  to  100  ft. —  Hardpan,  i;  e.,  clay,  small  stones  and 
boulders  in  a  very  compact  mass.  Must  use  dynamite  almost 
constantly  in  order  to  make  any  progress. 

From  100  to  140  ft. —  Clay  and  sand.  Material  very  soft,^  the 
weight  of  tods  being  sufficient  to  penetrate  material  which 
stands  up  well  and  does  not  fill  in  when  casing  is  removed. 

5;  ■  The  inspector  must  bear  in   mind  the  possibility  of  large 
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boulders  existing,  and  should  constantly  be  on  the-  lookout  for 
indications  of  them  in  the  drillirigi-'  ; 

Note:  In  this  locality  boulders  greater  than  20  ft,i  in  any 
dimension  were  not  met  with,  but  some  were  dtoujid  that  were 
10  or  12  ft.  through.  Consequently,  when  ibedrock  was  re^iched, 
it  was  decided  to  drill  20  ft.  to  make  certain  it  was  not  a 
boulder.  •       ... 

Conclusions. —  The  experience  gained  in  the-  borings  at  the 
Ashokan  Reservoir  led  to  the  following  conclusions : 

1.  A  washed  sample  without  proper  obser-eations  was  of  no 
value  as  a  record,  while  greater  weight  given^  to  the  inspection 
of  the  boring  operations  would  approach  the  actual  conditions 
much  nearer. 

2.  A  dry  sample  was  more  satisfactory,  but,  without  the  in- 
spector's observations,  was  not  sufficient. 

3.  Invariably  the  proportion  of  clay  given  ini  boring  records 
was  too  small.  ,         ^  ,       i    r.         ■'  " 

4.  The  coarser  materials,  such  as  boulders,  cobbles,,  etc.,  were 
npt  given  enough  weight. 

.  5.  Small  stones  would  be  chopped  up  by  the  bit  and  on  com- 
ing up  through  the  casing  would  be  interpreted  as  sand. 

6.  If  water  was  lost  it  was  in  a  pervious  material  or  water- 
bearing stratum  with  little  or  no  clay  present,  or  a  seam  in  rock. 
'7.  If  material  was  recorded  as  ."  sand  and  gravel"  with  no 
loss  of  water,  it  was  probably  an  incorrect  record,  for  clay  gen- 
erally was  present. 

8.  The  percentage  of  core  obtained,  everything  else  being  equal, 
varied  directly  with  the  hardness  of  the  rock.,  •    ;. 

•9.  A  larger  percentage .  of  core  was  possible  with  a  bit  of 
large  diameter.  ,.  .  >  ' 

10.  The  conglomerates  and' harder  sandstones  yield  nearly  95%, 
while  the  softer,  loose  and  tilted  shales  yield  less  than  25% 
of  core  at  best.  I  ..  -,  -  ' 

11.  A  good  hard  rock  suitable  for  foundation  or  construction 
may  be  granular  or  nodular  in  texture  and  consequently  give 
very  little  core  and  that  very  seamy.  This  core  would  be  re- 
corded'as  seamy  and  would  give  a  false  impression  of  actual 
characteristics.         '  ■       ,^ 

12.  The  amount  of  core  should  be  but  a :  small  factor  in  a 
general 'determination  of  the  quality  of  the  rock.  ;  The  improper 
setting  of  a  bit,  excessive  vibration  of  -the  rods,  too  strong  a  force 
of  water,  or  the  grinding  away  of  the  core,  will  reduce  the 
amount  obtained. 

13.  Vertical  seams  will  reduce  , the  amount  of  core.  One  case 
is  worthy  of  mention :     Ten  feet  had  been  drilled  and  the  working 
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of i  the  machine  showed  no  unusual  conditions.  On  pulling  up 
the  core  barrel,  it  was  found  that  only  1  ft.  of  core  had  been 
obtained.  A  weighted  tape  was  dropped  into  the  hole  to  see 
whether  any  core  wa.s  left,  but  the  hole  was  found  clear  and 
empty.  By  careful  inspection  of  the  core  that  was  obtained,  the 
presence  of  a  vertical  seam  was'  discovered.  The  machine  showed 
no  indications  of  soft  rock  or  horizontal  seams  in  the  running, 
the  wash  came  up  throughout  the  run  with  good  blue-stone  cut- 
tings. It  was  concluded,  therefore,  that  the  bit'  had'  been  in  a 
vertical  seam  and  was  cutting  good  rock  with  its  outside  dia- 
monds, and  consequently  no  core  was  made  and  a  report  to  that 
effect  was  sent  to  the  Office.      ■ 

14.  It  is  possible  from  inspection  to-  see  whether  detached 
pieces  of  core  are  broken  mechanically  or  whether  seams  exist; 

1.5.  Boulders  greater  than  12  ft.  in  vertical  dimensions  were 
liot  encountered  in  the  glacial  till  of  this  section. 

Boring  with  Augers.  A  common  wood  auger,  welded  on  ;to 
the  end  of  lengths  of  gas  pipes  or  other  rods  and  turned  by  men 
with  levers,  may  be  sunk  from  25  to  100  ft.  in  ordinary  earth. 
When  sand  is  the  material  to  be  penetrated,  an  outer  casing,  of 
pipe  may  be  driven  with  mauls  or  weights  in  order  to  prevent 
the  sides  of  the  hole  from  caving  in.  Hardpan,  gravel  and  diffi- 
cult materials  cannot  be  penetrated  by  augers.  For  ordinary 
materials,  however,  this  method  will  give  fair  results  if  the 
observations  are '  made  with  care  and  intelligencei:  Some  so- 
called  earth  augers  are  not  true  augers  but '  are  really  spoons 
or  pods  which  are  twisted  or  driven  down  into  the  soil  and  then 
raised  for  removal  of  the  spoil.  Care  should  be  taken  not  to 
drive  the  spoons  or  augers  too  deeply  without  raising  thfem  for 
cleaning.  All  devices  of  this  character  tend  to  show  the  earth 
penetrated  as  being  more  compact  than  it  really  is. 

A  Simple  Boring  Deirice.  In  cominenting  upon  the  failure  to 
investigate  the  foundation  of  a  high  embankment  in  Engineering 
and  Contracting,  May  17,  1911,  the  writer  described  a  very  sim- 
ple boring  device.  The  instrument  is  a  bar  of  hexagon  or  octagon 
steel,  the  end  of  which  <is  swedged  and  enlarged  at  the  butt  and 
tapered  to  a  point  at  the  ends;  the  sides  of  the  head  are  corru- 
gated with  a  cutting  edge.  (Fig.  12.)  On  the  opposite  end  the 
bar  has  a,  T  handle  riveted  firmly  to  the  shank,  and  this  Aa.nk 
or  rod  may  be  20  to  23  ft.  long,  often  more.  Thei  mfethod  of 
operating  is  to  raise  this  rod  to  a  vertical  position  with  the 
■sharp  bit  on  the  ground,  and  then  by  churning  'the  rod  drive  lit 
into  the  earth  until  the  bit  reaches  an  obstacle.  If  continued 
churning  does  not  remove  or  penetrate  the  obstacle  in  its  path, 
several'  hard   churns   will    dislodge   particles   from   the   obstruc- 
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tion,  and  by  twisting  the  handle  around  several  times  the  particles 
will  lodge  within  the  cutting  edge  of  the  bit,  and  may  be  brought 
to  the  surface,  where  they  may  he  examined.  ,  ■ ,   ,, 

In  open-cut  mining  worlc,  ii  was  customary  to  lay  off,  a  tr£^et 
of  land  to  be  examined  in  squares  of  10  ft.,  so  that  each  square 
contained  100  sq.  ft.,  staking  the  corners.  At  each  stake-^  sound- 
ings were  taken  to  the  ore  bed.  Two  men  were  sufficient,  and 
they  were  capable  of  sounding  from  10  to  15  lioles  per  hr. 


'^1  Houndlron' 


"I  HexorOilom 
Drill  sieel 


Cutting  edges 


Fig.  12.     Sketch  of  Device  i  for  Boring. 


A  Hand  Auger  for  Prospecting.  The  hand  auger  shown  in  the 
accompanying  illustratixras,  from  Engmeering  and  Contracting, 
Jan.  19,  1910,  was  developed  by  Baird  Halberstadt,  engineer  and 
geologist,  Pottsville,  Pa.,  in  the  course  of  his  work  in  prospecting 
some  new  coal  fields  in^  West  Virginia. 

The  tool.  Fig.  13,  consists  essentially  of  four  parts  —  a  heavy 
auger,  a  handle,  a  cutting  bit  and  a  number  of  sections  of  1-in. 
gas  pipe  (one  8  ft.,  the  others  3  ft.  in  length),  threaded  at  both 
ends  and  fitted  with  ferrules.  The  auger  is  made  of  %-in.  steel, 
4  turns  in  13  in.,  rounded  and  threaded  to  fit  the  ferrule,  and  to 
this  are  screwed  the  sections  of  pipe  as  the  depth  of  the  hole 
increases.  It  has  been  found  well  to  have  the.first  section  made 
longer  than  the  others,  as  the  handle  can  be  passed  up  and  down 
as  required  without  entirely  uncoupling  it,  as  becomes  necessary 
when  passing  over  a  ferrule.     The  handle  igtmade  in  two  sections, 
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as  shown  in  the  drawing;  the  joining  ends  are  held  firmly  by 
two  bolts,  and  a  circular  hole  drilled  of  a  diameter  slightly  less 
than  that  of  the  pipe.  With  the  bolta  tightened  up  fully,  the 
pipe  win  twist  before  the  handle  will  slip  around  the  pipe.  > 

For  holes  exceeding  10  ft.,  when  loose  rock  is  encountered,  a 
cutting  bit'  replaces  the  auger  until  the  obstruction  is   passed 


I 
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Fig.  13.     Auger  for  Making  Test  Borings,, 


through.  It  has  been  found  that  greater  speed  can  be  made 
by  using  for  holes  where  obstructions  are  met  at  a  depth  of 
less  than  10  ft.  and  more  than  4  ft.  Ordinary  jumpers  are  made 
of  1%-in.  octagon  steel  of  good  quality.  The  bits  are  of  the 
round  rather  than  triangular  shape.  Two  of  these  are  usually 
carried  with  the  party,  one  6  ft.  and  the  other  10  ft.  long.     Fig. 
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14  fully  explains  the  forms  of  each  of  the  parts.  Any  good 
colliery  blacksmith  should  be  able  to  make  one  at  a  cost  not 
to  exceed  $15. 

The  outfit  consists  -of  2  auger  bits  (one  for  any  emergency, 
although  but  two  or  three  were  broken  in  drilling  the  65  miles 
outcrop),  a  cutting  bit,  2  jumpers  6  and  10  ft.,  one-half  dozen 
18-in.  bastard  files  for  sharpening  the  blades  of  the  auger,  an 


Fig.  14.     Details  of  Bits  for  Test  Boring  Auger. 

8-lb.  striking  hammer,  an  18-in.  Stilson  pipe  wreijch,  a  monkey 
wrench  for  loosening  the  bolts  in  handle,  a  galvanized  iron  bucket 
and  tin  cut,  a  mattock  and  short  handle  shovel,  an  oil  cadger 
filled  with  lubricating  oil  for  use  on  ferrules  and  pipes,  and  a 
short  handle  cutting  axe. 

The  entire  outfit  can  be  carried  readily  by  a  party  of  three 
men  almost  anywhere.  In  fact  where  the  holes  are  not  far 
apart  two  men  by  making  an  extra  trip  can  transport  them.     It 
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has  he'fUi  found  advantageous  to  use  three  rather  than  two  men 
to  a  crew,  as  three' can' work  to  far  better  advantage,  and  the 
difference  in  cost  is  more  than  made  up  by  the  increased  amount 
of  work  accomplished.:  ■  i      •  ku, 

If  the  hole  is  on  the  slope  of  a  hill,  a  space  of  say.i2l^;to  3  ft. 
square  should  he  leveled  off  with  a  mattock  and,  spade^  Thi^ 
gives  the  men 'firm  foothold.  The  auger  (attached  to,  an  ,8-ft. 
section  of  pipe  to  which  the  handle  is  securely  fastened)  is  put 
down  and  the  handle  turned  until  the  auger  has  cut  through 
7  or  8  in.  of.. "  wash " ;  it  is  then  removed  and  a  cup  or  two 
of  water  is  poured  into  the  hole  and  -drilling  is  resumed.  The 
purpose  of  the  water,  if  the  ground  is  very  dry,  is  to  dampen  the 
soil,  but  not  to  make  it  too  wet.  The  material  cut  through  will 
then  cling  to  the  iauger,  filling  the  grooves,  and  the  whole  can 
be  quickly  removpd  when  •  the  auger  is  withdrawn.  On  each 
drawing  up  of"  the  auger  a  small  quantity  of  water  is  introduced. 

The  advantage  of  the  auger  over  the  churn  drill  is  here, ex- 
hibited, for  with  the  former  neither  a  scraper,  swab  stick  nor 
sand  pump  id  required,  while  with  the  latter  the  whole  mass 
must  be  made  pa^sty^  so  that  it  can  be  drawn  up  with  swab 
stick  or  in  a  sand  pump.  Another  advantage  the  auger  has. 
is  that  the  sides  of  the  hole  become  packed  hard  and  no  diffi- 
culty is  experienced  from  caving  in.  The  holes  drilled  with  it, 
.if  covered,  remain  ojpfin  for  many  months.  The  sand  pump  was 
used  only  in  extremely  wet  holes  and  generally  it  was  only 
necessary  to  use  it  when  holes  were  dri,lled  near  water  level. 
Throughout  this  entire  work  the  sand  pump  was  resorted  to  in 
but  a  few  instances.  .; 

Hook  Connections  for  Auger  Bods.  These  were  used  in  mak- 
ing subsidence '  tests  on '  the  Chicago,  St.  Paiil,  Minneapolis  and 
Omaha  Railway,  as  described  by  M.  M.  Wilcox  in  Engineering 
News-Record,  May  3,  l9lt. 

,  As  some  of  the  holes  bored  were  more  than  50  ft.  deep,  to 
unscrew  joints  every  time  the  auger  was  pulled  up  for  cleaning 
would  have  been  slow  work.  With  the  hook  connections  the 
rods  were  discoiinected  as  fast  as  they  were  lifted; from  the 
hple,  and  still  there  was  no  chance  for  them  to  become  dis- 
cbrinected  while  in  a  vertical  position.  : 

-  The  tools  used  for  the  tests  were  a  carpenter's  2-in.  auger,  a. 
2-in.  pbd  auger,  a  short  drill,  two  bars,  5  and  8  ft.  long  re- 
spectively, both  of  1-in.  drill  steel,  a  supply  of  2-in.  single- 
strength  pipe  and  couplings  for  casing  the  hole  in  soil  that 
caved,  a  Channon  pipe  lifter  with  a  Little  Giant;  .pipe  holder, 
wooden  mauls  for  driving'  the  casing,  a  shovel  and.,. post-hole 
digger   for  use  in   going  "through  the  ballast,  a   short  piepe,  of 
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heavy  log  chain  with  hook  and  eye,  two  pipe  wrenches  ,  and  a 
supply  of  extension  rods.  ■  The  augers  and  drill  each  had  a,  shank 
4  ft.  long  with  an  eye  at  the  upper  end  soi  that  an  ext°nsion 
rod  cduld  be  hooked  on  as  the  hole  was  lotfered.  These  exten- 
sion rods  were  of  ^-in.  round  steel,  8  ft.  long,  with  an  eye  at  one 
end  and  a  hook  at  the  other.  There  was  one  rod  4  ft.  long  tP 
use  in  Qonnection  -with  the  longer  ones,  so  that  there  was  never 
more  than  4  ft.  out  of  the  ground  at  a  ;tiine. 

The  method  followed  in  making  these  tests  was  to  put  a  hole 
through  the  ballast -with  the  shovel  and  post-hole  digger,  than 
set  in  a  length  of  the  2-in.  casing  and  use  the  auger'  the  rest 
of  the  way,  lowering  the  casing  as  the  hole  progressed.  If  the 
fill  was  of  clay  or  any  matei-ial  that  would,  stand  without 
caving,  it  was  often  possible  to  complete,  the  hole  with  only 
the  one  piece  of -pipe,  as  that  would  keep  the  ballast ,  out  ,pf 
the  hole.     Where  the  fill  was  dry  sand,  or  if  there  was  water 
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Fig.  15.    Extension  Bar  for  Boring  Auger. 

on  the  sides  of  ;the  fill,  it  was  necessary  to  keep  the  easing  close 
to  the  bottom  of  the,  hole;  and  in  some  holes  better  progress 
was  made, with  the,  casing  driven  lower  than  the  hole,  the  ma- 
terial being  bored  out  inside  of  the  casing. 

In  a  number;  of  holes  small  gravel  stones  were  found  which 
caused  a  great -deal  of  trouble,  until  a  3-ft.  piece  of  li^-in.  pipe 
(the  largiest  tha,t  would  go  inside  the  2-ln.  casing)  was  fitted 
with  an  eye  at'  one  end  so  that  the  extension  rods  could  be 
hooked  in.  Thj^  pipe  was  churned  up  and  down  in  the  hole 
until  the  gravel  had  become  wedged  in  the  pipe.     In  this  way  any 

,  stone  that  .would  go  in  that  pipe  could  be ,  removed-;  At  times 
the  stones  were  too  large  Jio  be  lembved  in  that  way,  and  it 
was   necessary   to   drive   the   casing   down   until   the   stone   was 

■  \wedged  ii^  it.     The. casing  was  then  pulled  and.  cleaned.     In  some 
holes  it  was  possible  to  replace  the  casing  without  losing  any 
of  the  hole,  but  at  other  times  it  was  foppd  that  from  5  to  50% 
of  the  hole  had  filled  and  would  have  to;  Jje  bpred  out  again,. 
;   Auger  Borings   on   Sewer   Construction.     In   Engineering  and 
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Oontfiiotifig,  March  23,  1910,  Roger  DeL.  French  describes  tesjt 
1>orings  for  sewer  ^  construction  at  Louisville,  Ky.,  where  wash 
borings  were  taken  on  the  line  of  proposed  sewers  by  a  superin- 
tendent and  (usually)  four  men.  Oftentimes  a  bore  hole  could 
be  put  dowii  to  its  full  depth  with  a  post-hole  auger,  but  small, 
holes  required  to  be  cased  with  4-in.  pipe  and  sunk  with  a,  sand 
pump.  The  cost  of  these  holes  ran  from,2,ct.  to  as  high  a3i,20  ct. 
per  ft.,  according  to  location,  material  penetrated  aB(d ,  number 
of  holes  ■  in  one  group.  Foxir  men  and  a  superintendent  could 
put  down  an  average  of  180  ft.  per  day  of  S  hr.  in  the,  clay, 
sand  and  gravel  underlying  Louisville. 

Cost  of  Test  Borings  for  the  Winnipeg  Shoal  Lake  Aqueduct. 
Much  test  boring  was  done  during  the  winter  of  1913-14;  in  ex- 
amining the  proposed  location  of  the  aqueduct  from  Shoal  Lak^ 
to   Winnijpeg.    A:  description   of   this   work:  and  cost   data   are 
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Fig.  16.    Ice  Thickness  and  Temperature  Curves  for  Indian  Bay, 
Shoal  Lake,  Greater  Winnipeg  Water  District,  1913-14. 

given  by  Douglas  L.   McLean   in  Engineering  '  and  Contraating, .. 
April  7,  1915.  , 

This  work  was  carriied  on  under  the  severe  climatit;  condi- 
tions of  a  Manitoba  winter.  Maximum  ice  conditions  on  Shoal 
Lake  from  December,  1913,  to  June,  1914,  are  shown  graphically 
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on  Pig.  16.  This  chart  shows  the  growth  of  the  ioe  from  day  to 
day  on  an  ice  space  kept  clear  of  all  snow.  Corresponding  to 
the  curve  of  ice  thickness-  is  a  temperature  curve  to  show  the 
amount  of  cold  which  produced  this  ice.  In  order  to  measure 
this  in  degrees  below  freezing  over  a  stated  period,  the,  ordinatea 
for  the  curve  were  taken  as  "degrees  Fahrenheit  below  freezing 
times  one  day."  The  maximum  depth  of  ice  on  snow  covered 
portions  of  the  lake  was  2.3  ft.  thick  as  compared  to  3.2  ft.  on 
clear  Space.  On  the  peat  boga  the  depth  of  frost  averaged  about 
2  ft.  The  maximum  depth  of  frost  encountered  was  3.7  ft.  in. 
sandy  soil  while  the  minimum  in  sheltered  snow  covered  places 
was  1 .5  ft. 

The  located  line  for  the  section  of  the  aqueduct  on  which 
Party  No.  3  made  borings  ran  for  the  most  part  through  a 
clay  country  covered  with  peat  bogs.  For  the  seven  miles  from 
Snake  Lake  to  the  Boggy  River  the  peat  bog  averaged  about  8 
ft.  in  depth. 

Cost  data  relating  to  a  portion  of  the  test  boring  work  are  - 
given  under  the  following  headings:    (1)   Salaries  and  board  al- 
lowance.    (2)    Empire  drill  costs.     (3),  Hand  auger  costs.     (4Ji 
Wash  boring  costs.  •     .         . 

Salaries  and  Board  Allowance.  The  following  were  the  stand- 
ard rates  paid  by  the  Greater  Winnipeg  Water  District: 

Instramentman,  per  lEoiith  ; JlOO* 

Leveler,   per  month    '. 90 

Topographer,  per  month 75  to  $80 

Field  draughtsman,  per'month 60  to    76 

Hodman,   permonth 40  to    45 

.  Head  chainman,  per  month  40  to    45 

Bear  chainman,  per  month  35 

Head  picketman,  per  month '  40  to    45 

Cook^  per  month   '  '  '60  to    75 

Gookee,  permonth ....". 35 

.Leader,  per  day „ . . .  1.75 

Laborer,   per  day *■-■;'■.■  \^^ 

*  All-  grades  were  boarded  free,  while  in  the  field.  An  additional  s\\o^- 
ahce  of  15  ct.  per  day  per  laborer  while  on  boring  was  given  to  malce  up» 
for  extra  wear  and  tear  on  mitts  and  clothing. 

For  the  boring  costs  given  in  this  article  a  board  allowance 
of  $1.05  per  working  day  has  been  charged. 

Empire  Drill  Costs.  Total  and  average  costs  for  645  ft.  of 
boring  using  the  small  auger  drill  spoon  with  necessary  drill 
rods,  wrenches  and  handles  of  a  Junior  Empire  Drill  Set,  are 
given  in  Table  I.  The  Junior  Empire  Drill  Set  ordered  by  the 
district  cost  $260  delivered  at  Winnipeg.  It  was  supplied  by 
the  New  York  Engineering  Co.,  whos^  catalog  gives  a  complete 
description  of  its  various  parts.     The  test  holes  put  down  wejrei 
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at  2j000-ft.  internals,  averaged  22.2  ft.  in  depth  and  cost  32.4  pt. 
per  ft.  run,  including  the  'peat  in  the  depth. 

In  opening  up  the  holes  through  the  frozen  material  axes  were 
used  on  all  hand  auger  work,  as  the,  axe  was  found  more  efficient 
than  a  chisel,  icrowbar  or  pick. 

TABLE    I.    HAND   AUGER   TEST  BORING   COST   DATA,    WINNIPEG 
AQUEDUCT 

(Small   "Empire  Drill"   eaFth,  auger  .used  without  casing,  as  hand  auger) 

Totals 

'     Number  oJ  holes  ; 29,0  ' !  :  ■ 

Frost  depth  in  feet,  1  ^ 55.9 , 

I'pat  depth  in  feet,  2 234.1 

Sand  and  gravel  depth  in  feet,  3  0.9 

Clsiy  depth  in  feet.  4  405.7    ,      ,. 

Total  depth  in  feet  of  1,  S,  4  465.5 

Total  depth  in  feet  of  2,  3,  4 644.7        >  ' 

'     No;  I  of  men -per  day  or.  man-days  ,..  65.8    , 

Cost  per  day $208.66    ' 

Work  done  from  Feb.  4-: 8  —  Feet , 

Average  ,  depth  frost  per  hole  ,-••.•: i.?3 

(Tliis  is  frozen  peat  and  water.) i  ■'■    ' 

Average  depth  peat  per  holey, s:.; 8.07 

Average  depth  sand  and  gravel  per  hole..'.., .03 

Average  depth ,  play  per  hole  . ." '. 14.10         ■ 

Average  total  depth 22.20 

Average  cost  per  foot  run;  1,  3,  4,  ct 44.8 

Average  cost  per  foot  run,  2,  ?,  4,  ct 32.4 

Average  cost  per  man-day  $3,175 

Average  man-days  per  hole  " 2.27 

Average  man-days  per  foot  run,  1,  .3,  4 0.141 

Average  man-days  per  foot  run,  2,  3,  4  ..' 0.102 

4-men  gang  —  ' 

Average  cost  per  day  , $12^70 

Average  bored,  1,  3,  4,  fi  et  ..per  day  28.4 

Average  bored,  2,  3,  4,  feet  per  day .39.2 

Note. —  Cost  of  auger,  axes,   ftc,  not  included  in  table. 
These  holes  were  about-2,000  ft.  apart  and  considerable  time  was  required 
transporting  ouifit  and  traveling  to  camp. 

Hand  Auger  Costs.  Table  II  giVes  the'  cost  of  some  6,200  ft. 
of  boring  for  which  was  used  the  hand  augers  shown  in  Figs. 
17  and  18.  These  hand  augers  give  practically  the  same  effi- 
ciencies for  depths  of  15  to  20  ft.;  but  for^  depths  Under  15  ft. 
the  pipe  auger  is  the  faster.  The  rod  auger.  Fig.  17,  coiisisting 
of  1  auger  piece,  1  handle,  5  extension  rods  with  12  extra  bolts 
%-in  X  1%-in.,  cost  $10.70.  To  this  should  be  added  cost  of  a 
couple  of  spanners  and  a  handle  for  lifting. 

The  pipe  auger,  Fig^  18,  consisting  of  1  auger  piece,  5  rods 
with  couplings  and  bolts,  1  handle,  1  extra  set  of  bolts  and  2 
spalnners,  together  with  2  only  %-in.  steel  chains  4  ft.,  long,  with 
one  grab  and  one  slide  hook  attached  Jo  each,  cost  $15.  < 
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Fig.   17.     Hand  Operated  Rod   Auger   Used  on  Wippipeg  Shoal 
iLake  Aqueduct. 


TABLE   II.    HAND   AUGES  TEST  BORING  COST  DATA,  WINNIPEG 
AQUEDUCT 

Totals  to  April  22 

Number   oiF  holes    ;  370.0 

Frost  depth  in  feet,  1  , ;\  j  759.6 

Peat  depth  in  feet;  2} '. 2,49Q.9 

Sand  and  gravel  depth  in  feet,  3   '    59,3 

Clay  depth  in  feet,  4   3,352S 

Total  depth  in  feet,  1,  3,  4  ., 4,>171.2 

Total  depth-in  feet,  2,  3,  4 , '6;902.5 

No.  o^  men  per  day,  man-days ;.       236.9 

Cost  per  day $662.70 

Summary  of  results  to  April  22  — 

Averags  depth  frost  jler  hole,  feet  2.05 

Average  depth  of  peat  'per  hole,  feet  i    6.73 

Average  depth  of  sand  and  gravel' per  hole,  feet...  '   0.16 

Average  depth  of  clay  per  hole,  feet   .\9.06    ^ 

Average  total  depth,  feet  ".T,. :'....     '  15.95, 

Average  cost  per  foot  run  of  1,  3,  4,-ct.  ..i...J...  15.9 

Average  cost  per  foot  run  of  2,  3,  4-,  ct.  . .  J\'.^r<. . . .  11.2 

Average. cost  perilhah-diayi  h.i....;.,j.j.if....tvr.. /,,,••.(.  $2.80 

Average  man-days  per  hole   V.'. ..  0.64 
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Average  inan-days  per  foot  run,  1,  3,  4  0.057 

Average  man-days  per  foot  run,  2,  3,  4  0.040 

'  3-man  gang  — 

i   Average  cost  per  day  .'. i $8.40 

'  'Average  bored,  1,  3,  4,  feet  per  day 52.8 

■     Average  bored.  2,  3,  4,  feet  per  day  75.0 

Cost  of  equipment  — 

3  rod  augers  at  $10.70    $32.10, 


1.21 
2,10  ' 

1S:0D 
184 

12:00 

Total     , $63.24 

This  equipment  cost  is  not  included  in  table 

.t....«.55_ 


6  spanners  'at  ^0  ct. 

3  monkey  wrenches  at  70  ct. 

1  pipe  auger  at  $15  

.  4  -lO-qt.  galv.  pails  at  21  ct.   . 
1  doz-,  3^-lb.  axes  at  $1   


i-5 
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Fig.  18.    Hand  Operated  Pipe  Auger. 
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Boring  with  Hollow  Pipe.  In  order  to  sample  the  material 
along  the  route  of  the  proposed  Boston  subway  according  to 
Engineering  News,  Mar.  29,  1894,  a  pipe  was  driven  down  and 
then  pulled  up  and  the  soil  retained  in  the  interior  was  removed. 
The  depths  reached  averaged  25  ft.;  a  maximum  depth  of  38  ft. 
was  obtained.  A  small  derrick  was  used  for  pulling  out  the 
pipe  and  also  for  lifting  the  weight  used  to  drive  it.  The 
earth  which  was  forced  into  the  pipe  during  the  driving  was  in 
turn  forced  out  by  water,  and  a  small  tube  was  inserted  into  the 
pipe  for  the  purpose  of  taking  out  samples. 


!'  ,t  V  «- ) 
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Fig.  19.-   Depth  of  Test  Holes  and  Character  of  Sub-Soil. 

Cost  of  Auger  Holes  in  Oklahoma.  Mr.  F.  0.  Kirby,  in  En- 
gineering and  Contracting,  Jan.  14,  1914,  gives  the  method  and 
cost  of  determining  the  soil  conditions  beneath  a  proposed  five- 
story  office  building  at  Chickasha,  Okla. 

At  one  time  there  was  a  slough  *here  this  building  stands, 
and  as  the  town  grew  and  the  street  was  built  up,  the  ground 
was  filled  in.  In  general,  the  soil  on  top  of  the  groilnd  to  a 
depth  of  about  10  ft.  was  red  sandy  clay,  with  strata  of  gumbo 
and  hardpafl  every  few  feet.  Below  a  depth  of  10  ft.  the  sand 
in    the    soil    increased.     The    high-water    mark    during'  the   wet 
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season  was  ubout  6  ft.  below  the  streetilevel.iand  the  low  ip^int, 
as  shown  in  Fig.  !&;  was  ab6ui  17.5  ft.  ■  ii 

The  same  strata  were  found  in  each  of  the  three  teat  holgsi. 
The  first  test' hole  was  taken  in  the  center  of  the  basement,  anfl 
the  rither  two  were  taken  at  each  side  pf  it.  ■  ;■ 

Holes  Nos.  2;  and  3  were  madle  by  a  post  auger, .  using  pipe 
to  lengthen  the  handle.  No.  1  was  started  by;  driving  a  galvan- 
ized iron  pipe  in  sections  by  le\<erage.  At  a  depth '  of;  2g ;  ft. 
this  pipe  closed  up  so  that  it  was  impossible  to  get  a  :3-in.  auger 
through  it,  nor  could  a  sand  ibucket  be  used  to  clean  out  the 
pipe.  A  driver  was  then  rigged  up  by  using  a  set  of  leads  wfth 
a  railroad  tie  for  a  hammer,  Lkbor.ers  were  emplpyed  to  lift 
and  drop  the  hammer,  to  drive  a  4-in.  pipe  in  10-ft.  sections,  and 
to  take  out  the  soil  with  an  auger  and  sand  bucket. 

The  cost  of  the  three  test  holes  shown  in  Fig. '21  (totaling  91 
ft.)  is  gived  below.  '  This  cost  is  based  on  1912  prices  for  ma- 
terials, the  local  union  scale  of  45  ct.  an  hr.  for  carpenters,  20 
to  25  ct.  for  laborers,  and  62.5  ct.  for  the  foreman,;  Tlie  lumber 
in  the  derrick  is  not  included  in  the  cost,  as  it  was  used  in  the 
building.  '    : 

-  Cost 
Driving  test  holes  and  removing  wrought  iron  pipe,' 

,    labor    only    ;..,..  J  34.45 

Carpenters,   building  derrick   i.,!.-.,  7.20 

Carpenter,    rigging    ..- •, ...  3.60 

Post    auger 2.00 

15  ft.  6f-l--in.  black  pipe  1.05 

15  ft.  Qf  Mn.  No.  22  well  casing  2.70 

1  sand  liuc'ket   . . ; 4.75 

12  ft.  of-  1-in.  black  pipe '6.78 

27  ft.  of  9in.  galvanized  iron  casing  6  75 

2Ms-m.  Jiflnd  buclSBjL*..-;^ 3.75 

62  ft.  of  3V4-in.  black  pipe  28.52 

2  couplings  ^ O.SO 

2   cajis  ■"'."" 0.90 

-1  B.  coupling   0.40 

4  cuts  and  threading  • 1.60 

15^-ft.-T.of  %-in. -black  pipe .' 0.78 

2%-in'.    couplings    0.15 

I .pViWwg   *°"i   threading    0.^5 

Eitig  in  pipe 6.15-     ' 

4  guides  for  derrick  l.OOi 

2  braces  , 0.50 

,  Clamp  to  pull  pipe 2.00 

24  ft.  .of  9-in.  casing. , g.oo 

Total  cost  of  3  test  holes   ;..    $110.03 

-Auger  Boring  with  an  ^lapiie  Urill.  iEngi^eering  and  Cqrir 
tracting,  J&n.  29,  1908.)  The  drilling  is  done  wit^  one,  of 
several  tools,  adapted,  to  the  particjular  kind  qf  material  being 
drilled  -^  attached  to  the  drilling  rod.  The  tool  »nd  rod  are 
operated  inside  the  casing  by  the  men  on  the  platform,  who 
raise   and  drop   them   like   a   "  churn "   drill.     The   men   on   the 
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Fig.  20.     Sectional  View  of  Empire  Drill,  Made  by  the  New  York 
Engineering  Co.,  2  Rector  St.,  N.  Y. 
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ground  rotate  the  casing,  which  has  a  sharp  cutting  shoe  on  the 
lower  end.  The  casing,  with  its  burden  of  platform  and'  men, 
thus  keeps  cutting  and  sinking  into  the  ground  several  inches 
ahead  of  the  tool.  A  horse  may  be  substituted  for  the  men  who 
rotate  the  casing. 

The,  material  which  enters  the  casing  is  drilled  and  forced 
into  a  sand  pump  at  the  same  time.  The  pump  is  occasionally 
lifted  out  of  the  casing,  emptied  and  the  contents  noted. 

Four-in.  pipe  is  generally  used,  with  a  special  coupling  that 
makes  a  flush  joint;  that  is,  all  of  the  couplings  have  the  same 
outside  diameter  as  the  pipe,  which-  makes  it  very*  easy  either 
to  sink  or  remove  this  casing.  Instead  of  the  4-in.  pipe'  or 
casing,  3-in.  or  even  2%-in.  casing  can  be  used  if  desired,  and 
it  will  make  more  rapid  work,  but  of  course  would'  give  a  smaller 
core. 

After  the  hole  is  finished,  the  pipe  is  easily  withdrawn  be- 
cause the  casing,  having  been  constantly  rotated,  is  always  loose, 
both  while  sinking  and  removing. 

In  estimating  the  cost  of  operating  this  drill  there  is  little 
else  to  be  calculated  besides  thejabor,  as  the  repairs  constitute 
a  small  part  of  the  operating,  expense.  Of  the  laborers  employed, 
one  must  be  a,  foreman  or  driller,  another  an  ordinary  pipeman, 
and  the  balance  of  the  crew  common  laborers.  When  the  casing 
or  piping  with  its  platform  is  rotated  with  a  horse,  instead  of 
the  men  on  the  ground,  it  effects  quite  a  saving  in  the  cost  by 
dispensing  with  three  or  four  men.  If  the  ground  does  not 
contain  heavy  boulders,  and  the  holes  are  not.  over  35  to  40  ft. 
deep,  six  men  will  be  sufficient,  or  three  or  four  men  and  a  horse. 

With  the  4-in.  size  hole  50  ft.  of  hole  per  day  have  been 
drilled  at  a  cost  of  30  ct.  per  ft.  Twenty-flve  to  30  ft.  of  hole 
per  day  will  be  averaged  through  hard  cemented  gravel  con- 
taining boulders. 

Mr.  Thos.  G.  Ryan  used  one  of  these  Empire  hand  drills  on 
Long  Island  putting  down  a  number  of  holes  through  sand  and 
gravel,  with  occasional  strata  of  clay,  and  in  some  cases  en- 
countering large  boulders.  About  40  test  boriiigs  were  made, 
each  hole  averaging  59  ft.,  the  total  being  2,4.54  ft.  The  time 
consumed  in  this  work  was  73  days,  working  9  hr.  per  day.  The 
cost  given  below  includes  the  drilling,  drawing  the  casing,  and 
moving  and  setting  up  drill,  thus  covering  a  number  of  re- 
movals over  a  considerable  period  of  time. 

The  total  cost  of  the  work  was': 

1  foreman  73  days  at  $4  S292.00 

1  pipeman  73  days  at  f 3  , 219,00 
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3  laborers  73  days  at  11.50  each .'. {328.50 

1  horse  73  days  at  $1  73.00 

Depreciation,  interest,   renewals  and  incidentals 81.76 

Total    cost    $994.26 

An  Empire  drill  was  used  under  the  direction  of  Mr.  Clarence 
R.  Snow,  during  the  autumn  of  1908,  in  Colombia,  South  America. 
An  account  of  this  work  appears  in  Engineering  and  Contracting, 
June  6,  1909. 

The  work  was  done  with  native  peons  or  Indians,  who  had 
never  seen  machinery  of  any  kind.  The  country  in  which  the 
holes  were  being  sunk  was  covered  with  forest,  the  bush  and 
undergrowth  in  many  places  being  very  heavy.  To  move  the 
drill  from  hole  to  hole  a  narrow  path  was  cut  through  the  un- 
dergrowth 6  or  7  ft.  high.  A  small  flat  bottom  boat  was  used  to 
carry  the  drill  across  the  river,  there  being  consumed  about  half 
an  hour  to  do  this.  As  there  are  no  roads  in  Colombia  it  would 
be  almost  impossible  to  work  a  steam  drill,  owing  to  the  diffi- 
culty of  moving  it  from  place  to  place. 

Four  men  were  used  to  turn  the  casing,  and  four  men  did 
the  drilling,  an  additional  man  being  used  for  cutting  trails. 
The  entire  crew  was  used  to  draw  the  casing  and  move  the  drill 
from  hole  to  hole.  The  following  is  a  record  of  seven  days' 
work: 

First  day, —  Carried  outfit  across  river  in  boat  and  began  hole 
No.  1.     Made  14  ft.  in  top  soil  and  11  ft.  in  gravel  by  5  P.  M. 

Second  day,-^  Finished  hole  No.   1,  2.5  ft.  more  to  bed  rock, 

_total,  27.5  ft.     Pulled  casing  and  began  hole  No.  2,  100  ft.  distant 

before  noon,  and  sunk  the  hole  17  ft.  deep  to  bed  rock  before  4 

p.  M.     Pulled  casing  and  moved  to  hole  No.  3,  drilling  9  ft.  in 

overburden.  '"  " 

Third  day, —  Finished  hole  No.  3,  24  ft.  deep.  Pulled  casing 
and  started  hole  No!  4  by  2  P.  M.  Passed  through  12  ft.  of  over- 
burden and  10  ft.  of  sand  and  gravel  by  5  P.  m. 

Fourth  day, —  Finished  hole  No.  4,  which  was  28  ft.  deep  to 
bed  rock.  Pulled  casing,  cut  trail  and  moved  to  hole  No.  5,  300 
ft.  northeast  of  hole  No.  4,  and  started  new  hole  by  noon.  After 
drilling  17  ft.  through  overburden  an  old  buried  tree  was  striick, 
but  the  drill  went  through  it  easily.  By  5  p.  m.  22  ft.  were  made 
in  this  hole. 

Fifth  day, —  Finished  hole  No.  5,  28  ft.,  and  after  pulling  cas- 
ing began  hole  No.  6.  Got  down  14  ft.  "in  overburden  and  9  ft. 
in  gravel  by  5  p.  m. 

Sixth  day, —  Finished  hole  No.  6,  going  down  9  ft.  more  to  bed 
rook.     Moved  outfit  across  the  river   and  about  a  mile  up  the 
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river,  and  at  2:45  started  hole  No.  7.     Made  0  ft.  in  overburden 
and  !)  ft.  in  gravel  by  5  P.  M. 

Seventh  day, —  Finished  hole  No.  7,  29  ft.,  to  bed,  ,rock,  and 
moved  50  ft.  north  and  sunk  hole  No.  8,  22  ft.,  to  rock.  "Started 
hole  No.  9,  50  ft.  north,  and  made  6  ft.  in  top  soil  by  5  p.  M.  ' 

Thus  in  seven  days  of  drilling  213  ft.  were  drilled,  an  average 
of  30.5  ft.  per  day.  It  will  be  noticed  that  as  the  men  became 
accustomed  to  the  work^^they  improved  a  little  each  day. 
'  With  th&  Enipdre  drill  an  auger  drill  spoon  is' usedi  that  will 
cut  through  hard  soils,  roots  and  sunken  logs  and  easily  pene- 
trates gravel.  It  picks  up  any  material  and  brings  it  as  a  core  to 
the  surface  with  a  minimum  amount  of  disturbance  of  the  ma- 
terial as  it  actually  lies  in  the  ground.  Water,  as  a  rule,  is 
not  used  to  assist  in  drilling,  so  the  auger  will  pick  lup  ithe  finest 
particles  of  gold.  If  it  is  desired  to  use  water  in  drillling  it  can 
be  done.  The  casing  is  pulled  by  levers  with'  a  very  simple 
device.  .i     . 

With  wages  at  $1  per  day  for  the  men  the  expenses  were  about 
$10  per  day,  allowing  $1  for  incidentals,  the  cost  per  ft.  was 
about  33  ct. ,  At  American  wages  the  cost  would  have  been  about 
45  ct.  'p6r  ft. 

Post  Hole  Diggers  are  not  true  augers,  but  consist  of  a  scoop 
or  screw  which  fills  itself  as  forced  into  the  earth ;  when  filled  it 
mufit  be  lifted  out  of  the  hole  and  dumped.  As  this  must  be 
re])eSted"  for  every  few  inches  of  hole  the  process  is  too  slow  for 
use  on  any  but  shallow  holes.  '         .    • 


Fig.  21.     Post  Hole  Auger. 

A  useful  type  of  post  hole  auger  is'  shown  in  Fig.  21,  which  is 
taken  from  Engineering  and  Contracting,  Oct.  30,  1907. 

The  handle  on  the  small  sizes  is  4  ft.  long,  while  a  6-ft.  handle 
is  used  on  tlie  laiger  sizes.  For  ordinary  purposes  thesfe  lengths 
are  sufficient,  but  for  boring  test  lioles' the  handle  is  readily 
lengthened  by  attaching  additional  pipe  of  the  same  size  as  the 
handle.  ;  > 

With  a  10-in.  auger,  holes  35  ft.  deep  have  been  bored,  while 
■with  a  4-in.  auger  a  depth  of  75  ft.  has  been  obtained.    Where  a 
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large  number  of  shallow  holes,  from  which  specimens  are  to  be 
taken  are  needed,  this  auger  should  give  excellent  results. 

In  the  issue  of  Aug.  28,  1907,  page  133,  the  cost  of  digging  post 
holes  for  a  fence  with  an  auger  is  given.  With  wages  at  $1.50 
per  10  hrs.,  84  holes  being  dug  with  a  6-in.  auger,  the  cost  per 
hole  was  1.8  et.,  or  .7  ct.  per  lin.  ft.,  which  gives  a  cost  of 
98  ct.  per  cu.  yd.  , 

The  style  of  auger  shown  in  the  cut  is  made  of  two  steel  blades, 
each  blade  with  two  cutting  edges.  The  blades  interlock  at  the 
bottom  in  the  notches  made  for  that  purpose,  thus  holding  the 
dirt,  which  is  released  by  rapping  the  flat  side  of  the  blade  on 
the  ground.  The  auger  is  made  in  ten  sizes  from  3  in.  to  14 
in. 

Boring  with  Post  Hole  Diggers  on  long  Island.  In  tests  for 
the  adlitional  water  supply  of  the  city  of  New  York,  as  reported 
in  19(1,3,  some  22  teat  pits  were  dug  near  the  South  shore  of 
Long  Island  with  41^-in.  and  6-in.  post  augers,  at  a  total  cost  of 
about  $14..50,  or  60  ct.  per  hole.  The  total  number  of  feet  was 
102  and  the  cost  per  ft.  therefore  amounted  to  14  ct. 

Cost  of  Post  Hole  Digger  Boring.  Emile  Low  in  Engineering 
News,  March  21,  1907,  describes  the  work  of  making  earth  auger 
bojrings  on  the  New  York  State  Barge  Canal.  The  tools  used  con- 
sisted pf  a  light  steel  cylindrical  pod  (6  in.  in  diameter  and 
having  a  length,  including  the  serrated  bottom  edge,  of  5  in.) 
<!omposed  of  5  saw-shaped  teeth  2  in.  long.  These  teeth  were 
bent  inward  more  or  less  according  to  the  character  of  material 
peiietrated.  The  rods  were  made  so  that  they  could  be  screwed 
into  a  standard  section  of  gas  pipe  8  ft.  long.  A  suitable  handle 
was  provided  to  'grasp  the  pipe  with  which  the  earth  auger  was 
turned.  The  work  of  boring  the  holes  6  in.  in  diameter  was  ac- 
complished by  turning  the  auger  until  the  pod  was  full  of  earth, 
then  lifting  it  out  and  emptying  it.  In  suitable  soils  holes  16 
ft.  long  were  readily  bored.  In  the  work  described  450  holes  were 
driven  an  average  depth  of  13.26  ft.  The  cost  of  these  borings 
was  18.3  ct.  pfe  ft.     . 

Material,  muck,  sand,  clay  and  gravel. 

Force  employed  per  day:  three  laborers  at  $2.00;  at  times  1 
horse  and  buggy  for  transportation  of  men  and  tools,  $2.00. 
Daily  progress,  3  holes  or  40  ft. 

See  my  "  Handbook  of  Cost  Data  "  for  further  information. 

Cable  Drills.  In  my  "  Handbook  of  Rock  Excavation,"  pp. 
252-295,  methods  and  costs  of  using  cable  drills  are  given.  ITiis 
method  of  drilling  consists  in  alternately  raising  a  stiing  of  tools 
which  terminate  in  a  chisel  cutting  edge  and  letting  'them  fall. 
The  chopping  motion  imparted  to  the  cutting  tools  enables  thefti 
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to  penetrate  through  eoarse  gravel  and  boulders  that  could  not 
be  passed-by  the  wash  boring  method  without  blasting. 

Diamond  Drills  are  used  for  prospecting  rock  rather  than  earth. 
Their  chief  interest  from  a  standpoint  of  earth  exploration  is 
their  use  to  distinguish  large  boulders  from  ledge  rock.     ' 

Cost  of  Test  Wells  for  a  Bridge  Foundation.  P.  J.  Robinson 
in  Engineering  and  Contracting,  Jan.  5,  1910,  gives  the  following: 

Test  wells  were  bored  to  determine  the  nature  of  the  founda- 
tions for  the  piers  of  a  bridge  over  the  American  River,  Cali- 
fornia. Stagings  were  erected  from  the  side  of  an  old  bridge  and 
equipment,  which  consisted  of  a  gasoline  hoist  and  drill  machine, 
was  rented  from  a  local  well  borer,  who  also  supervised  the  work. 
Three  crews  prosecuted  the  work  at  the  start,  ending  with  one, 
with  wages  as  follows: 

Engineman -^ $4.75 

Foreman    .'....... 4.00 

Sub-foreman    3.75    ■ 

Sub-foreman 3.50 

Sub-foreman 3.25 

-  Laborers    ...-. 3.00 

Laborers    '. 2.75 

Laborers    2.50 

Laborers .' 2.25 

A  suction  sand  pump,  a  design  of  the  local  shops,  was  used 
through  the  gravel  and  cobbles  and  an  earth  auger  in  the  clay. 
The  wells  were  encased  with  sheet  iron  and  when  possible  the 
pipe  was  pulled  and  used  again.  The  prices  charged  for  this  ma- 
terial are  shown  in  the  cost  statement.  The  wide  range  in  cost 
of,  the  different  sizes  is  due  to  the  fact  that  the  14-in.  and  12-in, 
pipe  were  new,  while  the  10-in.  and  8-in.  were  second  hand. 

The  work  was  twice  interrupted  by  high  water,  necessitating 
the  dismantling  of  the  equipment,  and  thereby  adding  quite  ma- 
terially to  the  cost. 

The  cost  of  this  wo|rk  was  as  follows: 

'  Labor  — 

Loading  and  unloading  material,  63%  days  ' %   197.00 

Hauling  material,  2  days  6.50 

Boring  well  No.  1,  107  days  324.25 

Boring  well  No.  i  52  days  165.7B 

Boring  well  No.  3,  131%  days  .' 417.62 

Boring  well  No.  4,  51%  da.\'s  171.50 

Boring  well  No.  6,  117%  days 860.00 

Erecting  staging,  68,%  days  i .". ....r. 236.81 

Repairing  derrick,  2  days 7.00 

Making  boxes  of  test  well  soils,  4  days , 15.00  ' 

Rental  of  well  boring  apparatus   ...; 118.00 

$2,019,43 
Material  — 

Lumber,  9,073  ft.  B.M.  at  $13.83  per  M $125  47 

Sheet  iron  casing,  14-in.,  new,  52  lin.  ft.  at  $2.75 143^00    ' 
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Sheet  iron  casing,  12-m.,  new,  172  lin.  ft.  at  $2.25  $387.09 

Sheet  iron  casing,  10-in.,  second-hand,  49  lin.  ft.,  at  $0.60 29.40 

Sheet  iron  casing,  8 Jn.,Becond'hand,  36  lin.  ft.  at  $0.51 18.36 

Store   department  expense ...:/.' 40.55 

2%  of  labor  for  use  of  tools   ; 40.40        784.18 


Total     $2,803.61 

No.  lin.  ft.  bored,  534.5  —  cost  per  ft.,  $5.25. 

Of  the  five  wella  bored,  No.  1  and  No.  6  were  on  the  bank,  and 
Nos.  2,  3  and  4  were  located  in  the  ehannel  of  thp.  stream.  It  ip 
noted  that  well  No.  3  was  the  most  expensive  to  bore,  due  to  the 
nature  of  the  substance  penetrated. 

Cost  of  Test  Pitting.  The  following  are  costs  given  in  the 
Engineering  and  Mining  Journal  of  test  pitting  in  hard  clay  and 
hardpan  with  many  large  boulders,  where  the  ground,  dulls  tjhe 
picks  rapidly.  Foreman's  wages  were  $3 ;  laborers,  $2.  Two- 
inch'  hardwood  plank  was  used  for  cribbing  when  necessary.  No 
superintendence  or  office  expense  charged. 


Depth,         Hours, 

Per 

Pit 

feet              labor 

Cost 

foot 

1   

,..    17                   SO 

$18.00 

$1.06 

2   

24                 140 

29.00 

1.21 

3    

7              ~    15 

3.50 

0.50 

4    

22                   75 

16.50 

0.75 

5    

23                 100 

24.00 

1.04 

6    

26                 240 

'       48.00 

1.84 

7    

41                 270 

56.00 

1.366 

8    

46                 335 

72.50 

1.58 

9    

38                 255 

64.00 

1.70 

10   

33                 240 

54.00 

1.67 

11     

10                   60 

12.00 
22.00 

1.20 

12    

9                 100 

2.44 

13    

9                   20 

4,00 

0.44 

14    

17                   60 

12.00 

0.70 

15    

12                   55 

12.-50 

1.00 

Filling  pits  Nos.  1,  2,  3,  4  :... 

6.00 

Filling  i)its 

Nos.  5,  6,  7,  8,  9,  10  

..      35.00 

Filling  pits 

Nos.  11,  12,  13,  14 

7.00 

The  contract  price  for  sinking  a  test  pit  in  sandy  soil  and  doing 
all  necessary  cribbing,  all  supplies  to  be  furnished  and  tools 
sharpened  free  of  charge,  to  20  ft.  in  depth  is'$l  per  ft.;  from 
20  to  30  ft.,  $].25  per  ft. 

Test  Trenches.  Trenches  used  in  prospecting  a  mining  prop- 
erty are  described  in  Engineering  and  Contracting,  June  21, 
1911.  A  trench  60  ft.  long,  6  ft.  wide  and  7  ft.  deep  was  exca- 
vated by  6  men  with  picks  and  shovels  in  3.2  days.  A  staging 
was  then  put  in,  three  additional  men  were  hired  to  re-handle  the 
earth,  and  the  trench  was  deepened  8  ft.  to  rock.^ 

The  cost  of  excavating  146.7  cu.  yd.  of  earth  from  the  trench 
was  as  follows: 

Six  men  3  days  at  $3  , $  54.00 

Nine  men  2  days  at  $3 ol-OO 
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Six  round-point  lohg-handled   shovels $  9.75    i 

Three  square-point  D-handled  shovels  ■ i....  4.00.  s 

Six  5-lb.  drift  picks   :, 8.00 

Six  36-in.  drift  pick  handles  '. 1.90 

172  ft.  lumber  for  staging  3.10 

$134.75 
Cost  per  cu.  yd.,  $0,918. 

Bibliography.     "Hand  Book  of  Rock  Excavation,"  H.  P.  Gil- 
lette.    "  Cost  Data,"  H.  P.  aiUette. 

"  Boring  Test  Holes  with  an  Auger,"  Charles  Catlettj  Trans. 
Am.  Inst.  M.  E.,  Vol.  27,  1897. 

,  "  Methods  and  Costs  of  Wash  Borings,  Great  Lakes  and  Atlantic 
Ship  Canal  Survey,  1897-1900,"  Eng.  and  Con.,  Mar.  27,  1907. 
"Comparison  of  Cost  with  Two  Light  Wash  Boring  Rigs,"  A.  W. 
Saunders,  Eng.  and  Con.,  Dec.  9,  1908.  "  Cost  of  Making  Test 
Borings  with  Wood  Augers,"  A.  C.  D.  Blanchard,  Eng.  and  Con., 
Aug.  11,  1909. 


CHAPTER  IV 
CLEARING  AND  GRUBBING 

The  removal  of  trees,  brush,  and  stumps,  from  areas  'to  be 
excavated  or  on  which  embankments  are  to  be  built  is  a  subject 
of  importance  too  little  considered,  by  excavating  engineers. 
Often  where  cuts  ara  shallow  it  costs  more  than  the  excavation. 
In  spite  of  this  it  is  not  unusual  to  see  costs  of  excavation  figured 
to  hundredths  of  a  cent  per  cu.  yd.  and  the  cost  of  clearing  and 
grubbing  merely  guessed  at,  or  at  the  best,  so  stated  as  to  be 
valueless.  The  reader  is  referred  to  "  Clearing  and  Grubbing,"  a 
250-page  book  by  the  author  of  this  work,  from  the  first  chapter 
of  wjiich  the  following  discussion  is  largely  taken. 

Factors  in  Clearing  and  Grubhing  Cost.  Clearing  consists  in 
cutting  d!own  and  removing  or  burning  trees  and  brush,  except 
the  stumps.  Grubbing,  or  stumping,^consists  in  excavating  and 
removing  stumps.  The  unit  of  measure  is  usually  the  acre,  but 
occasionally  the  square  rod  (160  per  acre),  and  at  other  times 
the  "great  square"  (100x100  ft.),  is  the  unit  of  measure  for 
grubbing.  In  railroad  work,  a  "station"  of  100  ft.  in  length 
and'  a  width  equal  to  ;that  of  the  right  of  way  is  usually  the 
unit  of  clearing. 

In  clearing  trees,  the  following  are  important  elements  affecting 
the  cost  per  acre: 

1.  Number  of  trees  per  acre. 

2.  Average  diameter. 

3.  Average  height, 

4.  Kind  of  tree. 

5.  Density  of  wood. 

6.  Whether  the  logs  and  limbs  are  cut  up  and  hauled  off,  or 
are  chopped  into  cordwood,  or  are  burned. 

7.  Weatlier  conditions. 

8.  Efficiency  of  workmen  and  wage  rate. 

9.  Size  of  job. 

Unfortunately  no  published  record  of  the  cost  of  clearing  gives 
all  .these  factors,  but  many  give  a  sufficient  number  of  the  factors 
to  guide  the  reader  sufficiently  well. 

In  grubbing  stumps,  the: ,  following  are  important  elements  af- 
fecting the  cost  per  acre: 

1.  Number  of  stumps  per  acre. 

2.  Average  diameter  at  cut-off. 

3.  Kind  of  tree. 

4.  Green  or  dead. 
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5.  Kind  of  earth  and  degree  of  wetness. 

6.  Pulled  or  blasted. 

7.  Type  of  roots. 

,  :  8.  Burned  or  hauled  away. 

9.  Weather.  » 

10.  Ground  frozen  or  not.; 

11.  Efficiency  of  men  and  wage  rate. 

12.  Size  of  jpi). 

In  addition  to  the  above  factors  the  cost  of  excess  excavation 
required  to  fill  stump  holes  under  embankments  must  be  taken 
into  consideration. 

Types  of  Roots.  Tap  roots  are  the  most  difficult  to  pull  or 
blast.  .  The  long-leaf  yellow  pine  of  the  South  is  typical,  of  this 
class.     Hickory,  white  oak  and  black  gum  also  have  tap  roots. 

Semi  tap  roots  are  the  most  common  variety.  The  class  in- 
cludes white  pine,  poplar,  chestnut,  ash,  walnut,  persimmon, 
sassafras,  various  varieties  of  oak  and  most  fruit  trees. 

Lateral  root  trees  are  less  numerous  than  other  kinds.  This 
class  includes  elm,  soft  maple,  locust,  hemlock,  dogwood  and  elder. 
These  three  types  of  roots  merge  into  each  other.  Soil  condi- 
tions also  affect  the  form  of  root  growth  so  that  an  absolute 
classification  is  not  possible. 

Some  stumps  are  durable  and  others  will  rot  very  fast.  A 
stump  that  does  not  sprout  is  not  getting  any  worse  as  time 
passes,,  but  one  that  does  sprout  is  likely  to  be  harder  to  take 
out  each  succeeding  season. 

For  accurate  estimates  of  the  cost  of  either  clearing  or  grub- 
bing, the  number  of  trees  per  acre  should  be  known  approxi- 
mately. If  the  trees  are  classified  according  to  size,  more  accurate 
estimating  becomes  possible..  Much  yet  remains  to  be  printed 
relative  to  clearing  and  grubbing  costs  per  tree  of  different 
kinds  before  an  entirely  inexperienced  man  can  make  a  very 
close  estimate  of  costs  per  acre.  .^ 

In  chopping  or  sawing  trees  the  account  of  work  varies  about 
as  the  square  of  the  diameter.  Therefore  the  work  done  in  cut- 
ting down  a  48-in.  tree  is  16  times  as  great  as  that  on  a  12-in. 
tree  of  the  same  kind.  If  done  entirely  by  hand,  the  total  labor 
of  clearing  away  a  48-in.  tree  will  be  more  than  16  times  that 
required  by  a  12-in.  tree,  for  the  trunk  will  be  longer,  requiring 
to  be  cut  into  more  sections  before  it  can  be  moved:  Also  trees 
of  such  large  diameter  are  difficult  to  handle  with  a  cross-cut 
saw  so  that  even  the  difficulty  of  falling  increases  at  a  greater 
rate  than  the  square  of  the  diameter. 

Suggestions  as  to  Estimating  Costs  of  Clearing  and  Grubbing. 
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In  /?«j7,nefrm9  and  ContraoUng,  Sept.  6,  1911,  the  author  pub- 
lished   the  following:  ^ 

Any  one  who  has  not  seen  the  trees  of  western  Washington 
and  Oregon  may  find.  It  difficult  to  believe  that  clearing  and 
grubbing  has  often  cost  more  than  $500  an  acre  in  that  section 
of  the  country  Yet  on  a  recently  built  electric  , railway  along 
Puget  Sound  the  cutting  of  trees  and  yarding,  the  logs  on  the 
right  of  way  ready  for  loading  cost  $280  per  acre,  and  the  sub- 
sequent pulling  of  stumps,  stacking  and  burning  of  all  refuse  on 
the  right  of  way  cost  $300  per  acre,  making  a  total  of  $580  per 
acre  for  logging,  clearing  and  grubbing. 

It  is  clear  that  no  accurate  estimate  of  the  acre  coat  of  remov- 
ing stumps  can  be  made  until  at  least  two  elements  are  known: 
(1)  the  number  of  stumps  per  acre,  and  (2)  the  weighted  diam- 
eter of  the  stumps.  By  "  weighted  diameter  "  we  do  not  mean 
the  average  diameter,  but  the  weighted  average  for  cost  esti- 
mating purposes.  To  illustrate,  supposer  there  are  30  stumps 
per  acre,  20  of  which  measure  12  in.  in  diameter  at  the  cut-off 
(all  diameters  should  be  given  at  the  cut-off  and  not  at  the 
ground  level),  and  10  30  in.  in  diameter.  Then  the  average 
diameter  would  be  calculated  thus': 

Total  diam. 

20  at  12  in... =  240  in. 

10  at  30  in =  300  in. 

■  30  at  18  in =  640  in. 

If  we  assume  that  the  cost  of  blasting  stumps  varies  as  the 
square  of  the  diameter,  the  weighted  diameter  for  cost  estimating 
purposes  is  calculated  thus: 

Total  squared 
diam. 

20  at  (12  in.  X  12  in.)  =   2,880 

10  at  (30  in.  X  30  in.)  =   9,000 

30  at  nearly- (20  in.  X  20  in.)  —    .~. 11,880 

This  gives  nearly  20  in.  as  the  weighted  diameter  for  cost 
estimating  purposes.  ' 

Having  estimated  the  ^number  of  stumps  per  acre  and  their 
weighted  diameter,  it  is  possible  to  approximate  the  cost  of 
blasting  them  out.  To  this  must  be  added  the  cost  of  piling  and 
burning  them,  which,  it  is  altogether  probable,  can  be  reduced 
to  a  unit  coat  per  stump  of  given  size  that  will  make  accurate 
estimating  possible.  Fallen  logs  may  be  estimated  in  cords  of 
wood  per  acre,  and  the  cost  of  piling  and  burning  them  may  then 
become  a  matter  of  quite  accurate  forecast. 

In   estimating   clearing   and   grubbing,   as   in   estimating   any 


88       HANDBOOK  OF  EARTH  EXCAVATION 

other  costs,  the  primary  object  should  be  to  measure  the  work  in 
units  that  are  true  functions  of  the  cost.  By  itself  the  acre  of 
clearing  and  grubbing  is  not  a  satisfactory  unit  for  measuring 
costs.  The  thousand  ft.  board  measure  is  a  suitable  unit  in 
which  to  express  the  cost  of  felling  trees,  making  them  into  logs 
and  loading  onto  cars,  wagons,  etc.  The  stump  of  a  given  size 
is  the  proper  unit  in  which  to  ■.  express  the  cost  of  grubbing 
stumps.  The  cord  or  cubic  foot  of  wood  may  be  a  suitable  unit 
,  in  which  to  express  the  cost  of  piling  and  burning.  -  Other  units 
may  be  desirable.  It  is  clear  that  existing  cost  data  on  clearing 
and  grubbing  are  defective,  for  the  most  part,  because  they  are 
not  recorded  in  proper  units. 

Effect  of  Method  of  Excavation  on  Cost  of  Grubbing.  En- 
gineering and  Contracting,  Dec.  25,  1907,  gives  the  following: 
One  of  the  items  of  work  to  be  done  in  grading  a  railroad  is 
generally  the  clearing  and  grubbing  of _  the  land.  Under  some 
contracts  and  specifications  this  work  is  paid  for  as  one  item, 
under  others  as  two  items  as  clearing  and  as  grubbing,  while 
under  other  forms  of  contracts  this  work  is  included  in  that  of 
excavation. 

The  method  of  paying  for  clearing  by  ^the  acre  as  one  item 
and  grubbing  as  another  item  is  to  be  commended.  In  order 
to  dp  the  excavation  all  the  land  must  be  cleared,  but  in  addition 
to  the  area  used  for  the  cuts  and  embankments,  the  entire  width 
of  the  right  of  way  must  be  cleared,  and  overhanging  trees  and 
branches  must  be  cut  away.  On  the  other  hand  there  is  no  need 
of  grubbing  the  area  occupied  by  the  embankments,  nor  that 
on  the  right  of  way  not  included  in  the  cuts,  hence  there  should 
be  no  reason  why  this  area  should  be  included  in  the  payment. 
Likewise  the  method  of  doing  the  excavation  will  very  materially 
efTeet  the  cost  of  the  grubbing,  while  it  does  not  play  any  part 
in  ithe  cost  of  clearing. 

When  steam  shovels  are  i;sed  the  grubbing  cost  is  small,  as 
these  machines  will  undermine  the  stumps,  causing  them  to  fall 
into  the  pit,  where  they  can  be  loaded  onto  the  cars  by  means 
of  chains,  attached  to  the  dipper  teeth.  This  work  retards  the 
progress  made  by  the  shovel,  but  the  cost  of  grubbing  is  greatly 
reduced,  and  a  contractor  could  afford' to  bid  a  low  price  on 
the  grubbing  when  done  with  a  steam  shovel,  if  it  is  not  lumped 
in  with  the  clearing  or  other  work. 

When  grubbing  is  done  in  connection  with  rock  excavation,  its 
cost  is  small  as  the  stumps  are  shot  out  with  the  blasting  of  the 
rock," and  the  only  additional  expense  is  to  dispose  of  the  stump. 
This  will  have  to  be  done  by  hand  and  will  be  work  that  the 
contractor  will   charge  for  under  grubbing. 
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When  grubbing  is  done  for  scraper  work  the  ,  stumps  and 
largest  roots  must  be  blasted  and  dug  out,  and  the  work  is  much 
more  expensive  than  with  rock  excavation  arid  steam  shovel 
work,  although  a  large  railroad  plow  in  loosening'  the  ground 
will  cut  and  break  up  many  of  the  roots,  so  that  they,  do  not 
have  to  be  grubbed. 

The  grubbing  for  elevating  grader  excavation  must  be  done 
much  more  thoroughly  than  that  for  seraper  work.  The  stumps 
and  large  roots  must  not  only  be  grubbed,  but  all  the  small  bush 
stubs  and  roots  must  also  be  cut  out.  This  is  necessary  as  the 
grader  plow  will  not  cut  these  roots,  as  the  pull  on  the  plow 
is  a  steady  one,  unlike  that  of  a  breaking  plow,  which  can  be 
run  in  jerks,  while  the  plowman  can  shake  up  the  plow,  which 
is  a  considerable  help.  In  grubbing  for  a  grader  it  is  not  ad- 
visable to  blast  the  stumps,  as  this  makes  large  deep  holes,  whichi 
after  rains,  become  full  of  water  and  soft,  thus  causing  the  trac- 
tion engine  and  grader  to  mire  in  these  holes.  For  this  reason 
where  there  are  many  stumps  of  6  in.  or  more  in.  size  a  stump 
puller  should  be  used.  For  elevating  grader  work  the  stump 
puller  does  its  work  much  better  than  blasting,  as  it  will  not 
only  pull  up  the  stump,  but  also  all  the  large  roots  and  many 
of  the  sfnall  ones.  Nor  does, it  leave  as  large  a  hole  as  a  blast 
does.  Its  work  is  as  economical  as  blasting,  and  at  times  is 
much  cheaper.  The  small  stubs  aild  roots  must  all  be  grubbed 
by  hand.  To  do  efficient  work  of  grubbing  for  a  grader,  after 
the  large  stumps  have  been  pulled,  men  should  be  spaced  a  few 
feet  apart  and  the  entire  area  gone  over,  the  men  working  in 
rows  grubbing  up  everything  that  may  affect  the  working  of 
the  grader.  This  makes  grader  griibbiiig  more  expensive  than 
that  of  any  other  grubbing  for  ordinary  excavation  work. 

loss  of  Material  Due  to  Grubbing.  Mr.  F.  W.  Harris^  in  En- 
gitieering  Kews,  Dec.  17,  1914,  says  that  in  timber  country  10% 
of  the  total  excavation  can  be  considered  as  worthless,  as  it  con- 
sists of  humus,  rock,  logs,  roots,  etc.,  and  another  10%  should 
be  deducted  for  quantities  lost  in  blasting  stumps.  These  per- 
centages should  be  increased  t,o.  15%  in  ^ach, ,  instance  wjiere 
excavation  averages  less  than  a  3-ft.  cut.  Percentages  also  vary 
with  the' locality.  In,  the  Bitter  Root  Mountaiiis  in  Idaho,  they 
would  be  about  3% ;  while  on  the  western  slope  of  the  Cascades 
on  the  Washington  and  British  Columbia  Coast,  15%  would  not 
be  too,  high  in  each  case. 

Estimating  Shrinkage  Due  to  Removal  of  Stumps.  F.  W. 
Harris,  in  Engineering  News,  Dec.  23,  1915,  gives  the  following 
data : 

The  method  of  obtaining  an  estimate,  of  shrinkage  in  a  timber 
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country  is  as  follows:  'Plot  a  trial  grade  line  on  the  profile, 
seeing  that  the  quantities  balance  reasonably  close.  The  exca- 
vation should  exceed  embankment  at  least  10%.  The  profile  will 
give  the  center  out  and  fill,  and  an  experienced  man  can  stand 
on  the  center  line  and  estimate  where  the  slopes  will  intersect 
the  ground  line. 

The  stumps  in  each  station  should  be  noted  and  recorded  ac- 
cording to  sizes  and  kinds  of  stump,  also,  the  formation  of  soil, 
whether  rook,  gravel  or  swamp.  It  is  essential  to  note  the  kind_ 
of  stumps,  as  some  stumps  will  blow  out  much  easier  than  others. 
For  instance,  a  4-ft.  fir  stump  will  leave  a_  smaller  hole  than  a 
4-ft.  cedar  stump.  This  should  be  borne  in  mind  merely  as  it 
would  be  a  useless  refinement  to  grade  the  loss  of  excavation 
by  the  kind  of  stump  shot  out.  In  the  ofiice  the  stumps  should 
be  listed  according  to  icuts  and  fiUsi 

The  following  table  will  apply  on  the  Pacific  Northwest  Coast 
for  computing  loss  of  excavation  by  blowing  out  stumps.  Fir, 
cedar,  spruce,  hemlock  are  averaged  in  the  table. 

6  to  12  in 1  cu.  yd.  each 

12  to  24'  in. S  cu.  yd.  each 

.24  to  36.  in .:,  5  cu.  yd.  eacK 

Above  36  in. 10  ou.  yd.  each 

In  swamps  where  the  growth  is  spruce,  hemlock,  cedar,  maple, 
50%  should  be  added  to  these  quantities,  as  it  requires  more 
dynamite  to  lift  a  stump  of  given'  size^  owing  to  the  decreased 
.resistance  of  the  swamp  soils.  To  get  shrinkage,  say  between 
Sta.  20  and  30,  this  would  average  a  4-ft.  cut  on  the  center  line 
for  the  entire  distance.  Assuming  the  record  shows- the  soil  to 
be  clay  and  hardpan,  the  list  of  stumps  for  this  section  would 
total  65,  divided  as  follows: 

6  to  12  in 20  20  cu.  yd! 

12  to  24  in 20  60  cu.i  yd. 

24  to  36  in ,  20  100  cu.  yd. 

Above  36  in 5  50  cu.  yd. 

65      230  cu.  yd. 

In  this  cut  the  grade  line  would  have  to  be  lower  to  give  the 
additiqiial  230  cu.  yd.  lost  in  blasting.  As  the  same  condition, 
howeVer,  is  assumed  to  exist  in  the  adjacent  fill,  the  grade  line 
will  give  a  correct  balance. 

The  grubbing  clause  should  be  revised  to  include  the  following: 
All  stumps  and  roots  on  jthe  right-of-way  to  be  grubbed  will 
be  paid  for  according  to  the  list  of  sizes  shown  on  the  schedule 
of  quantities.  Stumps  6  to  24  in.  will  be  measured  4  ft.  above 
the  ground;  stumps  over  24, in,  diameter  will  be  measured  at  the 
butt  log  or  on  top  of  stump. 
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Clearing  and  Grubbing  Methods.  Trees  are  cut  down  with 
axes  and  saws,  cut  up  into  saw  logs,  poles,  ties  or  cord  wood 
and  removed.  The  remaining  debris  is  piled  and  burned.  Stumps 
can  be  dug  out  by  hand,  burned  in  place,  pulled  or  blasted. 

Digging  Out  Stumps  is  a  costly  operation.  It  is  sometimes 
unavoidable  but  whenever  possible  some  other  means  of  removal 
should  be  sought. 

Burning  in  Place,  while  often  economical,  is  too  glow  a  process 
for  general  use.  It  has  the  advantage  of  making  a  jcomplete  dis- 
posal of  the  stump  at  once.  On  very  large  stumps  such  as  are 
encountered  in  the  Pacific  Northwest  the  saving  in  cost  of  dis- 
posal may  justify  the  use  of  this  method. 

Blasting  is  by  far  the  most  satisfactory  method  of  grubbing 
stumps  prior  to  excavation,  and  if  care  is  taken  not  to  use  too 
much  explosive  it  is  equally  suitable  for  removing  stumps  from 
the  base  of  embankments.  It  is  a  convenient  method  requiring 
no  extra  plant  and  no  special  skiir  beyond  tliat  readily  acqiMred 
by  the  average  foreman. 

Amount  of  Dynamite  Used  in  Stump  Blasting.  The  following 
table  taken  from  records  of  blasting  in  Minnesota,  Pennsylvania, 
Oregon,  Kentucky,  Michigan  and  Florida  is  given  by  Mr.  J.  R. 
Mattern  in  a  bulletin  on  clearing  land  of  stumps,  prepared  for 
The  Institute  of  Makers, of  Explosives.  The  stUmps  were  blown 
out  effectively  and  successfully  and  the  figures  should  serve  as  a 
guide.     The  grades  of  dynamite  used  are  not  given. 


TABLE 

r  OF 

DYNAMITE   USED 

HiT 

SUCCESSFUL  BLASTING 

Dead  Pine 

Stumps 

liametE 

!r  and  soil 

Sticks  of  XVi 

in.  dynamite  or  powder 

10  in..  Clay 

1 

12   ' 

•      Sand 

1% 

12   ' 

'     Learn 

1 

12   ' 

'     Clay 

1 

14   ' 

'     Clay 

2 

16   ' 

'     Clay 

1^ 

18   ' 

'      Sand 

3 

18   ' 

'     Loam 

2 

IS   ' 

'     Olay 

1% 

20    ' 

'      Sand 

7 

20   ■ 

'      Clay 

4 

24   ' 

*     Loam 

6 

24   ' 

'     Sand 

6% 

24  ', 

'      Loam 

4% 

24   ■ 

'      Clay 

4 

36   ■ 

'      Sand 

10 

36   ' 

'     Loam 

8^4 

36   ' 

'      aay 

7% 

40   ' 

'     Clay 

7 

48   ' 

'      Sand 

13 

48   ' 

'     Loam 

10 

48   ' 

'     Clay 

9 

60   ' 

'     Olay 

15 
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,  Green  Pine  Stumps 


Diameter  and  soil                       Sticks  o£  IM,  in.  dynamite  or  powder 

15  in. 

,  Loam 

4 

24  " 

Sand 

Dead  Oak  Stumps 

10 

8  in. 

,  Sand 

IH 

12    " 

Sa;nd 

2 

12  " 

Loam 

m 

15    " 

Loam 

m 

16    ". 

Clay 

1% 

18   " 

Loam 

3 

20   " 

Loam 

3%, 

24   " 

Clay 

^ 

3 

26   " 

Clay 

2 

27    " 

Sand 

5 

27    " 

Loam 

4% 

30   " 

Clay 

4% 

30   " 

Sand 

6 

34   " 

Clay 

4% 

38   " 

Clay 

Green  Oak  Stumps 

5% 

16  in. 

,  Clay 

Dead  Fir  Stumps, 

3 

30  in. 

,  Loam 

■ 

10 

36    " 

Clay 

12 

,48   " 

Loam 

26 

72   " 

Clay 

Green  Fir  Stumps 

36 

40  in., 

,  Loam 

( 

flreen  Spruce  Stumps 

20 

60  in., 

Sand 

32 

Dead  Hemlock  Stumps 

15  in.. 

,  Sand 

2 

^ 

Dead  Walnut  Stumps 

10  in., 

Loam 

1 

Green  Gum  Stumps 

• 

15  in.. 

,  Clay 

Dead  Gum  Stumps 

3% 

24  in., 

Saiid 

4 

Green  Black  Gum  Stumps 

16  in., 

Sand 

5% 

Green  Sugar  Maple  Stumps 

16  in,, 

Sand 

Dead  Snag 

5% 

20  in,, 

Sand 

4% 

Tap-Root  Pine  (Charge  in  Wood) 

6  in., 

Sand 

% 

8   " 

Sand 

% 

IQ   " 

Sand 

1 

13   " 

Sand 

1% 

15   " 

Sand 

2 

18   " 

Sand 

— 

2^ 

TapEoot  Pine  (Charge  Against  Wood) 

6  in.,  Sand  1 

8   "     Sand  *  l^i 

12   "     Sand  ,  3 

15   "     Sand  4 

18  "     Sand  B 
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To  blast  out  standing  trees  without  first  cutting  them  down, 
use  about  20%  more  explosive  than  you  would  for  the  stumps. 
It  is,  better  to  blast  big  trees  with  several  charges,  firing  them 
electrically. 

Costs  of  clearing  and  grubbing  without  description  of  con- 
ditions encountered  and  methods  employisd  are  of  doubtful  value. 
To  give  them  here  as  they  should  be  given  would  require  more 
space  than  the  subject  warrants  in  a  book  of  this  character. 
The  reader  is  referred  to  the  author's  book  on  "  Clearing  and 
Grubbing,"  in  which  will  be  found  many  examples  of  the  cost , of 
this  work  done  under  various  conditions  and  by  various  methods 
throughout  the  United  States. 

Bibliography.  "  Handbook  of  Clearing  and  Grubbing "  by 
H.  P.  Gillette.—"  Cost  Data,"  H.  P.  Gillette. 

Bulletins  134  and  163  of  the  University  of  Minnesota  Agri- 
cultural Experiment  Station.- —  Bulletin  170,  Washington  State 
Agricultural  Experiment  Station. —  Bulletin  154,  Kentucky  Agri- 
cultural Experiment  Station^ — Farmers'  Bulletin  600,  U.  S.  De- 
partment of  Agriculture. — "  Clearing  Land  of  Stumps,"  by  J.  R. 
Mattern,  for  the  Institute  of  Makers  of  Explosives. 


CHAPTER  V 

LOOSENING  AND  SHOVELING  EARTH 

methods  of  Iioosening  the  Soil.  There  are  three  methods  in 
common  use  for  loosening  earth:  (1)  picking,  (2)  plowing,  and 
(3)'  by  explosives.'  '  Many  materials  are  loosened  and  loaded  at 
the  same  time  with  the  hand  shovel,  but  it  is  almost  invariably 
cheaper  to  pick  or  plow  or  otherwise  thoroughly  loosen  any  kind 
pf  earth  except  sand",  before'  shoveling.  Clay's,  when  wet  and 
ienaeidus,  may  be  effectively  cut  with  spades. 

Cost  of  Picking.  The  pick  is  ordinarily  not  as  economical  as 
the  plow,  biit  it  must  be  used  in  digging  trenches  and  in!  other 
cojiflned  places.  Trautwine  gives  the  average  output  per  man- 
hour  as  follows  y  wages  assumed  at  20  ct.  per  hr. 

1      Material  Cu.  yd.  per  hr.  Per  cu.  yd. 

Stiff   day   or    cemented    gravel ....               1.4  $0,146 

Strong  heavy  soils    2.5  .08 

Loam 41  .08 

,  Light   sandy    soil _6  .03 

Pure    sand    ... 20  .01 

M.  Ancelin  states  that  a  man  with  a  pick  would  loosen  1.6  to 
2.3  cu.  yd.  of  earth,  0.7  to  1.1  cu.  yd.  of  gravel,  and  0.9  cu.  yd. 
of  hard  pan  per  hour. 

In  loading  from  a  high  bank  of  hard  sand  into  cars,  it  required 
one  pick  or'  bar  man  to  each  pair  of  shovelmen.  Each  pair  of 
shovelmen  sent  out  30  loaded  cars,  equivalent  to  30  cu.  yd.  per 
hr.  It  must  be  remembered,  however,  that  this  material  while 
hard,  was  located  in  a  high  bank,  and  much  of  it  was  undermined 
or  barred  down,  and  broke  by  force  of  the  fall,  thus  requiring 
very  little  actual  picking. 

High  clay  banks  are  sometimes  loosened  by  powder,  but  more 
often  by  "  undermining "  and  "  falling."  A  narrow  cut  is  dug 
into  the  base  of  a  bank  that  is  7  to  8  ft.  high,  and  a  line  of 
wedges  is  driven  on  top,  1  or  2  ft.  from  the  edge;  thus  wedging 
off  pieces  weighing  many  tons,  which  break  in  falling. 

Patton  in  "  Civil  Engineering  "  says  that  throwing  horizontally 
with  a  shovel  is  limited  to  about  12  ft.,  or  about  6  ft.  vertically. 

Comparison  of  Pick  and  Mattock.  In  trimming  ground.  Engi- 
neering^ and  Contracting,  Jan.  15,  1908.  states  that  the  mattock 
is  much  better  adapted  than  the  pick.  This  is  so  of  parking 
work,  as  in  trimming  there  is  seldom  more  than  an  inch  or  two 
of  earth  to  be  dug  and  the  narrow  pick  will  not  cut  off  as  much 
earth  at  each  stroke  as  the  broader  blade  of  the  mattock.  In 
railroad  cuts,  the  pulling  down  and  dressing  up  of  slopes  is  done 
better  by  mattocks  than  by  picks.  Likewise  in  cellar  and  founda- 
tion work,  where  4t  is  necessary  to  dress  down  a  perpendicular 
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side  of  a  bank  to  neat  dimensions  and  lines,  the  mattock  does, 
better  and  more  economical  work  than  a  pick.  Thus  for  nearly 
all  cases  of  trimming  and  dressing  the  mattock  should  be  the 
tool  used. 

For  digging,  as  a  rule,  the  pick  should  be  given  the  preference.: 
At  one  blow  with  a  pick  a  large. wedge  shaped  piece  of  earth  can 
be  loosened  from  a  bank,  when  the  face  of  the  wedge  "is  free,  while 
with  a  mattock  a  single  blow  will  not  loosen  as  large  an. amount 
of  earth,  the  piece  being  a  truncated  wedge,  of  seldom  more  than 
half  the  altitude  of  the  wedge  the  pick  will  loosen,  and  only 
about  two-thirds  of  the  base.  This  should  always  be  remem- 
bered, as  the  most  important  misuse  of  the  mattock  is  to  use  it  in 
open  cut  work  for  digging. 

Tlie  mattock  can  be  used  to  better  advantage  than  a  pick  ifor 
digging  some  few  materials.  This  is  so  of  very  plastic  clays. 
A  pick  will  make  but  little  more  than  a  hole  in  material  of  this 
kind,  and  when  it  is  used  as  a,  leVer,  ,tMs  hole  will  simply  be 
enlarged,  but  with  a  mattock  small  pieces  can  be  pried  out  and 
large  pieces  can  be  cut  out  by  the  cutting  blade.  A  more  eco- 
nomical and  satisfactory  way  of  digging  this  kind  of  material 
than  with  either  the  mattock  or  the  pick  is  with  a  spade.  One 
of  the  editors  of  this  paper  increased  the  output  of  a  gang  of 
men  nearly  30%  in  handling  such  material  in  a  railroad 
cut  some  years  ago  by  substituting  spades  for  mattocks  and: 
shovels'.  All  the  work  was  done  with  one  tool,  and  the  loosening 
or  digging  was  done  better  and  cheaper  with  the  spade. 

In  swampy  and  marshy  ground  the  mattock  is  superior  to  the 
pick  for  digging.  This  is  due. to  the  fact  that  there  are  generally 
roots  in  such  ground,  and  also  because  the  material  is  generally 
clay  of  more  or  less  plasticity.  The  comments  that  have  been 
made  regarding  grubbing  with  a  mattock  show  that  it  is  the  tool 
for  digging  and  loosening  whatever  roots  are  encountered.  It  is 
also  true  that  turf  and  peat  are  dug  better  with  a  mattock  than 
with  a  pick. 

In  digging  ditches  and  trenches,  a  mattock  is  often  needed  until 
the  trench  is  a  foot  or  more  deep,  as  roots  are  encountered  and 
sometimes  old  logs  and  debris,  but  as  soon  as  this  kind  of  ma- 
terial is  gotten  rid  of,  only  picks  should  be  used.  The  cost 
is  greatly  increased  by  using  mattgcks.  The  sides  of  trenches 
can  be  dressed  well  with  a  pick,  so  that  sheeting  can  be  put  in 
place.  In  open  ditches  the  pick  should  be  used  for  digging,  but 
when  a  permanent  slope  is  to  be  put  on  the  ditch  a  mattock  should 
be  used. 

The  mattock  is  essentially  a  grubbing  and  dressing  tool,  and. 
is  only  adapted  to  economical  digging  in  a  few  special -materials. 
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It  may  be  termed  a  misuse  of  the  tool  to  make  it  do  digging  in 
ordinary  earth.     For  earth  work  a  supply  of  mattocks  and  picks  ' 
should  always  be  provided,  so  that  as  occasions  arise  for  the  use 
of  each  they  will  be  on  hand  and  money  will  not  be  wasted  in 
making  a  tool  do  work  for.whieh  it  is  not  adapted. 

Cost  of  Picking  and  Shoveling.'  The  cost  of  loosening;  with  a 
pick,  and  shoveling  into  wagons  when  wages  are  20  ct.  per  hr,  is 
as  follows : 

Kinds  of  Earth  Ca.  yd.  per  hr.      Per  cu.  yd. 

Easy  earth,   light  sand  or  loam 1.25  $0.16 

Average    earth  l.OQ  0.20 

Tough    clay    ^ 0.73  0.27 

Hard    sand    0.375  0.53 

Shoveling.  By  vigorous  exertion-  a  man  mg-y  shovel  1  eu. 
yd.  ( "  place  measure  " )  of  light  loose  earth  into  a  wagon  in  12 
or  even  10.  min.,  or  at  the  rate  of  50  or  60  cu.  yd.  in  a  10-hr. 
day,  usinCT  the  ordinary  round-pointed  shovel.  A  man  can  sprint 
100  yd.  in  10  seq.  or  at  tte  rate  of  20  miles  an  hour,  yet  no  one 
would  expect  a  continuance  of  the  performance,  all  day  long. 
Short-time  observations,  where  a  man  is  working  vigorously, 
should  therefore  not  be  made  the  basis  of  an  estimate  of  average 
cost,  as  is  not  infrequently  done.  Trautwine  speaks  of  the 
"  lost  time  "  of  shbvelers  as  being  ordinarily  about  4  Ijr.  out  of 
10.  The  expression  is  misleading,  for  time  spent' in  rests  between 
the  arrival  of  teams  is  not  time  lost,  provided  the  foreman  insists 
upon  vigorous  exertion  while  actually  working.  A  man  may 
shovel  only  20  min.  out  of  an  hour,  yet  accomplish  exactly  as 
much  in  a  day  as  another  man  shoveling  steadily.  Bear  in 
mind  that  men  need  not  be  k«pt  steadily  busy,  provided  that  when 
they  do  v?ork  they  make  up  for  the  time  "  lost "  in  resting;  and 
the  sanie  is  true  of  horses. 

In  this  connection  it  is  very  interesting  to  note  that  if  rea- 
soned out  "  theoretically,"  as  machine  work  frequently  is  by 
inventors  and  over-sanguine  manufacturers,  the  output  of  a  plow 
should  be  many  times  what  it  actually  is,  using  "  conservative 
figures"  thus:  The  ordinary  plow  cuts  a  furrow  6  in.  deep  by  12 
in.  wide,  so  that  a  team  traveling  at  the  very  slow  speed  of  11/^ 
miles  an  hr.  (less  than  half  its  ordinary  walking  gait)  would 
loosen  110  cu.  yd.  an  hr.,  while  if  it  walked  right  along  at  its 
•iisual  gait  the  amount  would  be  220  cu.  yd.  loosened  per  hr. ! 
There  has  been  too  much  of  such  "  theory "  used  in  estimating 
the  cost  of  ea,rth  work. 

It  may  be  said  that,  roughly  speaking,  about  175  shovelfuls 
of  earth  thrown  into  a  wagon  box  form  1  cu.  yd.  If  we  assume 
average   earth   to   weigh    100   lb,   per   cu.    ft.,    we    find   that   an 
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TABLE    OF    COST    OP    DIGGING   AND    SHOVELING 

(Wages  20ct.  per  hr.) 

Cu.  yd.  per  Ct.  per 

,,  J    .  manhr.  cu.  yd. 

Mud  mto  wheelbarrows   (1)    .........  0  8  ZS« 

Gravel   into  wheelbarrows    (1)     .^        1  7_2  7  q  ? 

Earth  into  wheelbarrows    (1) '.'.'.'.'.'.'.'.'.'.  16-48  6? 

Earth  into  wheelbarrows  average    (1)    .     2  2  9  3 

Earth  into  wheelbarrows   (2)    (10  Ihiles  Erie  Canal) .'! !  2.8  7.0 

garth   (all  kinds)    into  wagons    (*)■.: 21  10  0 

Earth    (all  kinds)    lAto  wagons    (4)    20  lO'o 

hand    mto    cars    from    high    face    (5'       10,000    cu     yds. 

place    measure) 1  g  H  q 

Gravelly,  soil,  into  wagons  after  plowing   (5)    ('20,000  cu. 

yds.    in    embankment) 1 3  15  3 

Iowa  soil    (6)    j'5.,  0  jj'3 

Iowa  soil   (A  rush  job)    (6)    .' . 2  8  "  71 

Clay   and  gravel   into  carts    (7)    ' 10  20  8 

Loam   into  carts    (7)    ....;..... 12  ig.7 

Sandy  earth  into  carts   (7) 14  MS 

Loose   sand   into  carts    (8) ],',  2  0  lo!o 

Clay,  tenacious,  excavated  with  spade   (8)    (Spaded  out 

and   handled   with   forks    1 25  16  9 

Loosened  hardpan  into  low  dump  cars    (9)    1.5  13.3' 

Loosened  average  earth  into  dump  cars    (9)    ,. . .  175  11.4 

Heavy  black  clay,  wet,  cast  5  to  10  ft.   (10)  0.33  60.0 

Loading  hardpan  into  carts  after  picking  (10)    (Picking 

done  at  rate  of  0.6  cu.  yds.  per  man  hr.    Not  enough 

pick    men)     0.5  40.0 

Excavating  sandy  gravel   and  stiff  clay;   wet   (10)    ....  0.33  60/) 
Excavating  dry  sandy  clay  (10)    (Earth  rehandled  3  and 

4  times.    InefSeient  foreman)    0.2  lOOiO' 

Shoveling    quicksand    into    buckets     (11)     (Coffer    dam 

excavation,   2  men  to  a  bucket) 0.21  95.2 

Aiithorities    (1)    M.   Ancelin;    (2)    Gillespie;    (3)    Cole;  (4)    D,  K.  Clark; 
(5)    Gillette;    (6)    J.   M;   Brown;,    (7)    E.   Morris;.  (8),   G.   A.   Parker;    (9)     , 
Lybhs;    (10) ,  Engineerinff  and  Contracting ;   (ll)  Eng.  Record. 


average  shavelful  contains  approximately  15.5  lb.  At  a  good 
steady  gait,  7  shovelfuls  are  loaded  per  min.  where  the  vertical 
lift  is  about  5  ft.  In  casting  for  a  vertical  lift  of  10  ft.,  h(jw- 
ever,  only  about  5  shovelfuls  are  handled  per  min.  In  casting 
earth  horizontally,  we  may  count  on  9  shovelfuls  per  min.  for  a 
5  ft.  horizontal  cast,  and  about  half  as  many  for  an  18  or  20  ft. 
horizontal  cast.  With  wages  at  20  ct.  per  hr.,  it  will  cost  about 
6.67  ct.  to  carry  a  cu.  yd.  10  ft.  in  shovels.  ■■"■.■ 

The  amount  of  earth  that  a  man  will  handle  per  hr.  with  a 
shovel  varies  not  only  with  the  character  of  the  soil,  but  with  the 
method  of  attack.  If  a  man  is  shoveling  from  a  face  of  earth 
over  a  foot  high,  one  that  he  can  readily  undermine  with  a  pickj 
for  example,  he  can  load  into  wagons  1.8  cu.  yd.  an  hr.  on  an, 
average;  while  if  he  is  shoveling  plowed  soil,  where  he  must, 
use  more  time  to  force  the  shovel  down  into  the  soil,  his  output 
will  be  about  1.4  cu.  yd.  per  hr.  If  he  is  shoveling  loose  earth 
off  boards  upon  which  it  has  been  dumped,  his  'output  is  about, 
2.5  cu.  yd.  j)er  hr. 


98  HANDBOOK  OF  EARTH  EXCAVATION 

At  a  mfeeting  of  the  Connecticut  Civil  Engineers'  and  Surveyors^ 
Association,  Jan.  8,  1901,  Mr.  G.  A.  Parker,  Supt.  Keney  Park,' 
Hartford,  Conn.,  gave  the  following  as  the  results  of  his  experi- 
ence : 

The  bank  was  loose  sand  requiring  neither  picking  nor  plow- 
ing. Material  was  shoveled  into  two-horse  carts  holding  1  cu. 
yd.  It  is  not  stated  whether  the  measurement  was  of  loose 
sand  in  carts  or  packed  sand  in  bank,  but  apparently  measure- 
ment was  made  in  cartg^  It  required  150  shovelfuls  to  make 
a  cu,  yd.,  and  a  man  by  shoveling  25  sec,  then  resting  25  sec, 
would  averajge  5  shovelfuls  loaded  in  50  sec,  or  22.i!  cu.  yd.  in  10 
hr.,  after  deducting  5%  for  waste  time.  Each  man  counted  his 
shovelfuls,  and  was  allovi'fed  to  cast  only  5  shovelfuls  before  the 
team  moved  on.  There  were  15  shovelers  in  a  gang  and  two 
gangs  in  the  pit. 

Mr.  Parker  claims  that  the  results  justify  his  statement  that 
this  is  the  best  known  method  of  working  men,  as  it  gives  them 
needed  rests,  and  keeps  their  minds  active.  It  may  be  observed 
that  it  might  not  work  so  well  where  soil  is  tough,  and  that  just 
as  high  outputs  have  been  obtained  by  the  common  methods 
where  sand  was  loaded. 

Size  of  Hand  Shovels.  This  is  an  important  subject  and  the 
one  which  has  received  almost  no  attention  from  contractors  and 
engineers.  It  seems  to  be  the  custom,  sanctioned  by  -long  usage, 
to  use  a  shovel  of  the  size  known  as  No.  2  or  No.  3.  From  data 
presented  by  Mr.  C.  W.  Hartley,  in  Engineering  and  Contracting, 
Mar.  31,  1915,  Mr.  Hartley  finds  that  a  No.  2  shovel  holdsbut 
13  lb.  of  earth  and  14.5  lb.  of  sand;  and  a  No.  3  shovel,  15.5  lb. 
of  earth  and  17  lb.  of  sand.  Observations  of  Mr.  F.  W.  Taylor 
show  that  thfe  proper  sized  shovel  for  the  average  man  contains 
21  lb.,  and,  on  that  basis,_  Mr.  C.  W.  Hartley  made  some  inter- 
esting experiments,  working  with  shovels  as  follows :  ^ 

In  a  gang  of  38  men  working  in  a  trench,  with  shovels  fur- 
nished by  themselves,  it  was  found  that  92%  were  using  the  , 
smallest  sized  shovel  on  the  market,  No.  2,  -wliile  t^e  remainder 
were  using  the  next  size  larger,  ,No.  3.  These  shovel^  are  in- 
capable of  holding  the  amount  of  material  that  should  consti- 
tute a  shovelful.  It  was  further  observed  that  50%  of  these  men 
were  using  shovels  which  were  worn  down  at  the  bottom,  within 
3'  in.  of  the  point,  or  until  only  half  of  the  original  blade  re- 
mained. Thei  loss  for  each  shovel  was  estimated.  By  careful 
time :  observa=tions  it  was  demonstrated  that  the  men  using  the 
worn  shovels  worked  no  faster  than  those  using  the  gopd;  fiirther 
that  men  will  shovel  at  approximately  the  same  speed,  whether 
they  an;  yvorking  with  a  No.  2  shovel  or  a  No.  4,  and,  as  a  gen- 
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eral  rule,  will  fill  the  blade  full  whenever  possible  to  do  so. 
This  being  the  case,  it  is  self-evident  that  the  use  of  small  or 
worn  shovels  will  entail  the  handling  of  less  material,    i  ; 

A  No.  2  shovel  in  good  condition  was  found  after  many  trials 
to  hold,  as  an  average  load,  13  lb.,  the  material  being  common 
loam,  loose  and  dry.  The  same  size  shovel,  worn  down  such  as 
were  used  by  half  of  this  gang  of  38  men,  were  found  to^  hold 
but  7  lb:  of  earth  or  loam,  which  is,  as  will  be  noticed,  only 
one-third  of  the  amount  Taylor  has  shown,  to  be  productive  of  the 
greatest  shoveling  efficiency. 

■  Now  let  i:s  assume  that  these  38  men  were  paid  at  the  rate  of 
20  ct.  per  hr.,  or  $1.80  per  day,  and  that  13  lb.  represents  the 
unit  basis  from  which  their  output  is  figured.  Fifty  per  cent,  or 
19  of  the  men  were  usingk  worn  shovels,  ani  were  doing  but  %3 
of  the  amount  of  work  done  by  the  remainder.  Figured  in  terms 
of  money,  tlis  would  give  a  loss  of  82  ct.  per  day  per  many  or 
$15.77  per  day  for  the  entire  gang,  or  41.5  ct.  per  day  for  each 
shoveler  in  the  gang  of  38  men.  It  is  easily  seen  how  these  fig- 
ures would  be  increased  if  figured  with  21  lb.  as  the^  unit.  For 
instance,  if  a  man  is  shoveling  with  a  shovel  holding  but  7  lb. 
of  earth,  when  he  might  use  one  holding  21  lb.,  he  is  therefore 
performing  but  one- third  of  the  amount  of  work  that  might  be 
accomplished  by  him,  were  he  provided  with  the  proper  tool.  If 
he  is  a  $1.80  man,  eA'gtiged  in  shoveling  all  day,  this  means  a  loss 
to  his  employer  of  $1.20  per  day; 

These  same  data  were  obtained  for  shovels  of  other  sizes,  No. 
3,  No.  4  and  No.  5; '  and  from  these  foregoing  described  experi- 
ences Mr.  Hartley  determined  to  use  No.  4  shovels. 

'  It  has  also  been  the  custom,  particularly  in  eastern  states,  for 
the  contractor  to  allow  the  laborers  to  furnikh  their  own  shovels. 
This  is  a  grave  Wistake,  as  laborers  are  naturally  inclined  to 
use  the  sirtal'lest  sized  shovel,  and  each  willfuirnish  a  shovel  of. 
but  one  shape;  whereas  it  is  generally  economical  to  use  a  shovel 
of  different  shape  for  each  kind  of  work,  and  of  different  size  for 
each  kind  of  material.  The  argument  against  furnishing  shovels 
for  the  men  has  been  that  many  are  lost  or  stolen.  Mr.  Hartley 
presents  a  report  showing  the  number  of  shovels  in  use/ and  those 
lost  and  worn  out  during  the  season  starting  Apr.  15,  1914,  and 
ending  Nov.  10,  1914.  In  this  season  of  168  working  days,  756 
shovels  were  furnished  the  men  and  353  shovels  were  used  up,  an 
average  of  2.1  per  day!  These  shovels  were  of  two  different 
grades,  costing  $8.60  and  $5.25  per  dozen.  Assuming  that  each 
shovel  cost  72  ct.  apiece,  or  at  the  rate  of  $8.60  per  doze^,  the 
cost  for  supplying  No.  4  shovels  for  laborers  was  $1.51  per  day. 
The  average  number  of  laborers  at  work  daily  was  178,  and  the 
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cost  of  the  shovels  was  less  than  1  ct.  per  man  per  day.  Of  the 
353  shovels  used  up,  308  were  worn  out,  and  45  were  unaccounted 
for,  being  lost,  stolen  or  broken.  It  would  seem  that  this  small 
percentage  of  12.7  unaccounted  for  would  tend  to  refute  the  ar- 
gument that  many  shovels  are  lost  and  stolen. 

Prom  the  foregoingi  the  reader  must  not  infer  that  a  No.  4  or 
No.  5  shovel  is  best  for  all  work.  On  the  contrary,  the  size  and 
shape  of  the  shovel  must  be  suited  to  the  hardness  and  tenacity 
of  the  soil,  as  well  as  its  weight  and  other  characteristics;  for 
example,  in  tough  soils  a  round-pointed  shovel  that_will  easily 
penetrate  must  be  used,  while  for  handling  loose  earth  or  in 
■shoveling  sand,  unless  it  is  to  be  cast  some  distance,  it  is  folly 
to  permit  the  shovelers  to  use  any  but  large,  square-pointed 
scoops.  With  a  large  square-pointed  scoop,  a  strong  man  can, 
for  a  short  time,  load  sand  into  a  wheel-barrow  at  the  marvelous 
rate  of  5  min*  per  cu.  yd.  On  any  work  where  various  kinds  of 
material  are  handled,;  several  sizes'  and .  shapes  of  shovels  should 
be  supplied.  This  is  contrary  to ,  the  usuaL  practice  as  evi- 
denced by  an  interesting  example  noted  in  Engineering  and  Con- 
ttaoting,  Apr.  7,  1915.  At  a  point  where  steam  railway  tracks 
were  being  elevated  over  a  street,  carrying  a  double  track  trolley 
line,  three  different  gangs  of  laborers,  representing  three  different 
interests,  were  engaged  in  excavating  hard  yellow  cla,y  with  hand 
tools.  The  steam  railway  gang  excavated  for  a  bridge  abutment, 
the  water  pipe  extension  gang  excavated  .for  the  lovfering  of  a 
large. main,  and  the  street  railway  gang  excavated  for  track  de- 
pression. Each  gang  used  the  ordinary  square-pointed  shovel, 
commonly  used  in  mixing  concrete  by  hand.  It  was  not  at  all 
uncommon  for  a  laborer  to  work  diligently  for  at  least  a  minute 
in  sinking  his  shovel  into  the  clay  the  full  length  of  the  blade. 
To  dp  this,  much  "pumping"  of  the  shovel  handle  and  much 
pushing  with  the  foot  was  necessary.  This  black  clay  was  the 
same  as  that  lying  under,  the  black  top  soil  of  the  Illinois  prairie. 
In  digging  ditches  used  for  tile  draining,  farmers  uniformly  use 
a  long  narrow  bladed  spade,  locally  known  as  a  "tiling  spade." 
This  spade  is  referred  to  in  some  localities  as  a  "  sharp  shooter."  ■ 
In  the  soil  mentioned,  one  or  two  thrusts  by  the  foot  will  stick 
it  in,  to  its^full  length.  Spades  of  this  type  should  have  been 
used  on  the  excavating  operations  above  mentioned. 

Scientific  Management  in  Trenching.  Engineering  and  Con- 
tracting, Nov.  29,  1911,  gives  the  following: 

The,  laying  of  mains  and  services  for  a  gas  works  offered  the 
most  prolific  field  of  investigation  to  begin  with,  since  more 
than  400  men  were  engaged  in  this  kind  of  work.  With  the  aid 
of  a  stop  watch  and  note  book  the  following  data  were  gathered} 
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Laborers  digging  9  ft.  sections  of  3.23-  cu.  yd.  each. 

Laborer  Min.  per-cu.  yd.  ' 

No. 

1  •  75.8 

2  62.0 

3  83.6 

4  72.7 

5  72.7 

The  time  for  removing  this  dirt  was  much  too  slow,  and  this 
for  the  following  reasons : 

1.  The  working  capacity  of  the  diflferent  men  varies  greatly 
due  to  lack  of  experience,  old  age,  and  a  slow  natural  gait  ac- 
quired by  years  of  such  work. 

2.  Good  men,  natural-born  workers,  and  capable  Of  much  work, 
are  slowed  down  or  work  at  the  pace  set  by  the  men  next  to  them. 

3.  Men  will**'  soldier  "  at  every  opportunity.  They  will  work  at 
a  reasonable  gait  while  the  foreman  stands  over  them  and  watches 
^hem,  but  just  as  soon  as  he  turns  his  back  and  leaves  the  gang, 
the  men  will  "  soldier."  The  foreman  purposely  picks  a  crew  of 
mixed  nationalities  so  as  to  avoid  "soldiering"  and  waiting  for 
each  other  as  much  as  possible. 

Two  days  later,  after  spending  most  of  the  time  with  the 
gang,  14  10-ft.  sections  were  laid  off,  and  the  men  timed  on  each 
section,  with  the  results  given  below: 

Laborer  Time  per  cu,  yd. 

No. 

1  55.1 

2  69.3 

3  66.5 

4  42.2 
'  ■                        5  38.2 

6  37.0 

7  62.5 

8  62.5 

9  62.5 

10  63.7 

11  63.7 

12  72.2 

13  75.0 

14  '  71.0 

The  average  time  waa  60  min.  per  cu.  yd..  The  two  men  dig- 
ging sections  4  and  5  are  good  men  and  work  fast.  They  could 
eksily  earn  $2.50  per  day- on  the  basis  of  $2  for  the  average  man. 
All  the  men  knefr  they  were  being  watched  closely,  and  worked 
more  steadily  than  they  otherwise  would.  Of  course,  there  is 
always  some  variation  in  soil,  and  temperature  conditions  have 
a  good  deal  to  do  with  the  manner  in  which  the  men  work.  It 
grew  hotter  in  the  afternoon,  and  the  men  naturally  weakened 
a  little. 
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Similar  observations  were  made  with  another  gang  working 
on  the  laying  of  a  4-in.  main  on  Cameron  Ave.,  north  of  Wood- 
land. 

Number  of  hr.  digging:  84.  Yd.  of  dirt  •removed :  86.85  =  .967 
hr.  or  58  min.  per  jrd.  as  the  average  of  17  men  digging. 

When  I  came  to  this  job  I  told  the  foreman  that  I  was  doing 
some  inspecting  for  the  Street  Department.  When  he  saw  me 
taking  notes  in  my  book  and  frequently  looking  at  my  watch, 
he  began  to  push  the  men  along,  muttering  to  them  in  their 
own  language,  most  of  them  being  Polish.  He  complained  about 
the  short  run  jobs,  and  said  it  was  difficult  to  know  how  to  place 
his  men.  The  soil  here  is  softer  than  that  on  Jefferson  Ave., 
but  wet  and  heavier-below  the  first  foot  or  two.  In  two  different 
places  the  banks  caved  in  in  the  same  half  block,  while  nothing 
like  this  happened  on  Jefferson  Ave.  in  about  four  blocks  or 
more. 

,  Ratio  of  Time  Required  to  Dig  and  Throw  One  SHovelful  of  Dirt 
to  the  Time  Required  to  Backfill  One  Shovel  of  Dirt.  Allowing 
for  variation  in  soil  of  section  by  considering  the  section  as  com- 
posed of  ^^  soft  soil  and  %  harder  soil,  and  multiplying  observed 
tijtnes  by  "this  ratio: 

On  Jefferson  Ajrenue,  1  ft.  below  surface; 

Mean   time   per   shovel    11.5    sec. 

Do.,   3  ft.  below  surface; 

Mean   time  'per   shovel    16.41  sec. 

11.5    X  %=    3.83 
16,41  X  %  =  M.95 

14.78  sec.  per  shovel 

Mean  of  51  other  observations  taken  at  random,  13  sec.  per 
shovel.     Average  of  the  two   (about),  14  sec: 

Time  per  shovel  on  backfilling : 

8-in.  main  gang   (mean  of  180  observations),   5  sec. 

4-in.  main  gang    (mean  of  190  observations),  4,8  sec. 

Time   required   to    dig 14 

=  2.8 

Time   required   to   backfill 5 

or  a  yard  of  dirt  should  be  thrown  back  m  .357  times  required  to 
dig  it. 

Taking  the  following  as  the  average  cross-section:  One  cu. 
yd.=:33.4  lin.  in.  or  .928  lin.  yd.  Total  time  required  to  dig 
and  backfill  .928  yd.  of  ditch  of  the  above  section  ==  59  min.  dig- 
ging +  16.5  min.  backfilling,  ot  75.5  min.  per  cu.  yd. 

Digging  of  the  Average  Man  Under  Close  Supervision.  Soil 
rather  hard,  and  ditch  located  about  5  ft.  from  row  of  trees. 
Digging  in  the  morning: 
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(1)  Average  time  per  yd.  for  good  men,  47.3  mm. 

(2)  Average  time  per  yd.  for  average  men,  57.4  mjn.  i 

(3)  Average  time  per  yd.  for  good  men  with  bonus,  38.3  min. 

(4)  Average  time  per  yd.  for  good  men  witliout  bonus,  59.3  min. 

(No.  1  is  the  average  of  No.  3  and  No.  4.) 

Amount  of  work  done  by  bonus  men  was  1 :51  times  work  done 
by  average  man.  This  is  equivalent  to  $3.03  on  a  basis  of  $2 
per  day.  The  bonus  allowed  was  three  hours'  overtime,  making 
the  day's  pay  $2.60  instead  of  $2.  On  the  basis  of  60  min.  for 
the  average  man  and  40  min.  per  yd.  for  the  bonus  man,  the  men 
would  be  doing  an  excellent  day's  work.  Even  allowing  this 
bonus  for  work  at  the  rate  of  45  min.  per  yd.  ($2.66  on  the  basis 
of  $2)  would  pay  because  of  the  influence  of  the  good  men  on  the 
other  men. 

The  Design  of  Shovels.  Fig.  1,  given  in  Engineering  and  Con- 
tracting, Aug.  18,  1909,  shows  a  method  of  testing  shovels.  A 
cord  was  suspended  from  a  spring  scale  to  the  handle  at  the  point 
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Pig.  1.    Sketch  Showing  Method  of  Determining  Efficiency  of 
«         Shovels. 


104  HANDBOOK  OF  EARTH  EXCAVATION 

the  workman  usually  grasps  in  lifting.  The  -distance  from  the 
end  of  the  h^^ndle  to  the  point  of  suspension  was  the  same  in 
all  cases.  This  then  brought  the  hand  some  distance  from  the 
bowl  with  long  handles  and  very  close  to  the  bowl  with  short 
handles.  The  bowls  were  loaded  and  the  spring  scale  showed  that 
the  shorter  the  handle  the  greater  the  load  on  the,  bowl  with  a 
,c^tain  weight  read,  on  the  dial,  which  meant  the  shorter  the 
handle  the  greater  the. load  with  the  same  effo,rt.  The  inclination 
of, the  handle  to  the  bowl  also  cut  considerable  figured  The  experi- 
ments would  indicate  that  for  lifting  and  turning,  the  ghovel  to 
use  should  have  a  rather  short  handle  with  a  pretty  large  angle 
from  the  line  of  the  bowl. 

Such  a  shovel  should  be  good  for  handling  loose  coal,  broken 
stone;,  gravel  and  for  concrete  mixing.  The  bowl,  is  a  trifle  Jarger 
than  [the,  ordinary  No.  2  shovel,  is  flat  and  is  slightly  concave  on 
the  lower  side  for  half  its  length.  The  object  of  this  is  said  to 
be  to  furnish  stiffness  when  occasional  spading  is  done,  to  furnish 
an  angle  to  make  the  front  edge  Self  -sharpening  and  to  prevent 
the  suction  so  often  experienced  in  handling  soggy  earth. 

Types  of  Shovels.'  Of  the  many  types  of  shovels  manufactured 
the  following  are  designied  for  use  on  ,  earthwork.  Prices  given 
are  those  in  effect  prior  to  the  war. 

Nursery  Spades  cost  $11  per  doz.  Ditching  Spades  and  Con- 
cave Drain  Spades  14  to  18  in.  longy  cost  $9  per  doz.  Post  Spades 
cost  $12  per  doz.  and  Marl  Gouges,  10  to  14  in.  long,  cost  $5  to 
$7  per  doz. 

Hand  Shovels.  Net  prices  for  standatd  railroad  contractors' 
and  mining  shovels,  at  Chicago,  in  quantities,  are  as  follows 
with  prices  for  four  grades :  ( 1 )  Extra  grade  made  of  best 
crucible  steel,  finely  finished  with  best, /white  ash  handles;  (2) 
first  grade  shovels,  also  made  of  crucible  steel,  and  grades  (3) 
and  (4)  made  of  open  hearth  steel.  The  Tiet  prices  in  Chicago 
on  these  four  grades  are  as  follows;- 

PRICES  AND  SIZES  ON  HAND  SHOVELS 
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The  above  prices  are  for  black  finish;   for  polished  add  50  ct. 
per  doz.     Shovels  with   square  or   round  'points,   "  D "   or  long 
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Fig.  2.    Nursery  Spade. 


c 


Pig.  3.    Bitching  Spade. 


Fig.  4.     Concave  Drain  Spade. 


Fig.  5.     Post  Spade. 


Fig.  6.     Marl  Gouge. 


Fig.  7.     D  Handle  Round  Point  Shovel. 


Fig.  8>,    D  Handle  Square  Point  Shovel. 
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handles  are  all  the  same  price.  The  size  No.  2  is  the  one  com- 
monly used.  For  sewer  or  brick  shovels  made  in  No.  2  size,  but 
having  a  shorter  and  heavier  blade  for  clay  and  other  heavier 

material,  net  prices  are  as  follows : 

Each  Per  Doz. 


Extra    grade 
Second    grade 


Fig.  9,     Long  Handle  Round  Point  Shovel. 

Fig.  10  shows  a  scoop  for  breaking  down  from  the  top  of  cars 
and  getting  to  the  bottom  when  a  square  point  scoop  will  not 
work. 


Telegraph  Shovel  and  Spoon. 


Cost  Data  on  Hand  Excavation.  Mr.  John  F.  Ely,  in  Engi- 
neering and  Contracting,  June  19,  1907,  gives  some  observations 
on  the  cost  of  excavating  earth.  The  following  examples  were 
observed.  '  ^ 
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1.  Six  men  excavated  a  square  hole  containing  15  cu.  yd.  in  6 
hr.,  or  at  the  rate  of  0.4  cu.  yd.  per  man  hr. 

2.  A  gang  averaging  4.S  men  dug  a  trench  3.5  by  5  ft.  deep, 
370  cu.  yd.,  in  25  hr.,  or  at  the  rate  of  0.42  cu.  yd.  per  man  hr. 

3.  A  gang  excavated  for  a  cellar  5  ft.  deep,  1,029  cu.  yd.,  5,840 
labor  hr.,  or  at  the  rate  of  0.69  cu.  yd.  per  man  hr. 

4.  Four  men  excavated  for  a  man-hole,  79  cu.  yd.  in  60  hr.,  or 
at  the  rate  of  0.33  cu.  yd.  per  man  hr. 

5.  Ten  men  excavated  for  a  aewer  111  ou.  yd.  in  36  hr.,  or  at  the 
rate  of  0.30  cu.  yd.  per  man  hr. 

6.  A  gang  excavated  a  trench,  8  ft.  wide  by  4  ft.  deep,  contain- 
ing 193  cu.  yd.  in  418  labor  hr,,  or  at  the  rate  of  0.47  cU.  yd.  p^ 
man  hr. 

7.  A  gang  excavated  for  a  cellar  containing  1,603  cu.  yd.  in 
6,400  labor  hr.,  or  at  the  rate  of  0  47  cu.  yd.  jer  man  hr. 

8.  A  gang  excavated  for  a  sewer  trench,  3  ft.  wide  by  5  ft.  deep, 
containing  137  cu.  yd.  in  259  labor  hr.,  or  at  the  rate  of  0.53  cu. 
yd.  per  man  hr. 

Total  11,415  labor  hr.,  26,5,38  cu.  yd.,  or  at  the  rate  of  0.57  cu. 
yd.  per  man  hr. 

In  the  third  case,  the  earth  was  partially  loosened  by  plowing, 
and  partly  by  pick,  and  shoveled  directly  onto  wagons.  In  the 
fourth  and  fifth  cases  the  small  amount  was  due  to  the  depth  and 
narrowness  of  the  excavation,  some  shoring  being  necessary,  and 
a  part  of  the  earth  being  hauled  twice. 

Cost  of  Handing  Ore.  Mr.  H.  E.  Scott,  in  the  Journal  of  the 
Worcester  Polytechnic  Institute,  states  that  in  unloading  ore  at 
the  Lake  Erie"  dock  the  shovelers  were  paid  by  the  ton,  arid  that 
the  following  records  have  been  made:  ..: 

The  prices  jjaid  were  13  ct.  per  ton  on  straight  work,  and  a 
maximum  of  18  ct.  per  ton  for  cleaning  up,  after  80%  of  the 
cargo  had  been  removed  by  automatic  machines.  Men  working 
at  the  18  ct.  rate  have  earned  as  high  as  $12  per  day  of  10  hr., 
which  means  6.67  tons  of  ore  were  shoveled  in  one  hour.  Work- 
ing at  the  13  ct.  rate  with  eight  men  in  a  hold,  shoveling  into  one 
ton  bucket,  each  man  can  handle  5  to  6  tons  of  ore  per  hr. 

Loosening  and  Shoveling  Sticky  Clay.  Engineeritvg  News, 
Sept.  27,  1890,  contains  an  interesting  note  on  the  methods  used 
for  loosening  and  shoveling  clay  in  the  St.  Clair  Tunnel,  Chi- 
cago. The  clay  was  known  to  be  soft,  and  ^  no  difficulty  was  an- 
ticipated in  digging  it,  but  in  this  very  soft  tenacious  clay  lay 
the  root  of  the  trouble.  Had  the  clay  been  stiff  and  dry,  it'  could 
have  been  dug  with  pick;  but  it  was  permeated  with  water,  and 
in  tenacity  it  is  said  to  have  borne  some  resemblance  to  India 
rubber.     An.  ordinary  shovel  was  bent  out  of  shape  prying  into  the 
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stieky  mass,  and  even  spades  were  soon  doubled  up.  The  spade 
illustrated  in  Fig.  12  was  tried,  but  the  progress  made  with  this 
tool,  however,  was  discouragingly  slow,  for  the  clay  had  to  be 
pried  out  in  chunks.  On  the  average,  one  gang  of  26  men  could 
dig  out  about  enough  in  8  hr.  to  advance  the  shield  2  ft.;  a 
creditable  enough  advance  perhaps,  and  yet  aggravatingly  slow, 
i  Before  the  tunnel  had^  progressed  very  far,  a  carpenter, ;  or 
joiner,  secured  employment  as  a  laborer  in  the  excavating  gang. 
He  had  never  been  accustoMed  to  working  with  a  shovel  or  spade, 
but  with  the  draw-knife.  The  next  time  he  reported  for  work  he 
carried  an  arch-shaped  draw-knife,  made  of  a  piece  of  heavy  band 
iron,  bent  to  a  half  circle  about  6  in.  across,  with  eyes  at  each 
end  in  which  wooden  handles  were  stuck.     The  lower  side  of  the 


Fig.  12.     Spade  and  Scraper  Used  in  Tunneling  in  Clay. 


band  was  brought  to  a  cutting  edge.  With  this,  novel  style  of 
draw-knife  he  went  to  work  and  was  able  to  shave  the  clay  down 
twice  as  fast  as  it  could  be  chopped  out  with  the  spaie.  All 
the  men  were  soon  Supplied  With  the  new  tool,  and  from  that  time 
forward  the  rate  of  progress  of  the  excavation  was  materially 
increased. 

In  connection  with  work  in  this  kind  of  material,  it  is  well 
to  note  that  in  ordinary  Chicago  clay,  a  man  with  a  spade  should 
excavate  10  cu.  yd.  per  day  of  8  hr.  This  kind  of  clay  is  best 
rehandled  with  forks  after  it  has' been  spaded  out  of  place.  In 
shoveling  stiff  clay,  with  shovels,,  the  rate  of  progres  can  be  in- 
creased by  dipping  the  shovel  in  water  between  each  shovelful. 
In  shoveling  sticky  mud,  if  a  few  holes  are  drilled  in  the  blade 
of  the  shovel  so ;  as  to  allow  air  to  penetrate  between  the  mud 
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and  the  shovel  blade,  the  suction  will  be  reducedj  and  the  mud 
will  slip  more  easily  off  the  bowl. 

The  Cost  of  Digging  a  Cess  Pool.  Engineering  and  Contracting, 
Oct.  28,  1908,  gives  the  following: 

The  hole  was  dug  on  Long  Island  in  a  clay  material  with  an 
occasional  boulder.  The  material  was  stiff  enough  to  stand  up 
without  shoring.  The  hole  was  8  ft.  in  diameter  and  24  ft.  deep. 
For  two  days  two  men  did  the  work,  but,  when  a  bucket  had 
to  be  used,  another  man  was  added  to  the  force.  A  three-legged 
derrick,  with  a  crank  on  it,  was  used  to  hoist  the  bucket  of  earth. 
The  excavation  was  made  entirely  with  picks  and  shovels.  There 
were  1,305  cu.  ft.  of  material  excavated,  or  about  48  cu.  yd. 
A  10-hr.  day  was  worked.     The  cost  of  the  work  was  as  follows: 

2  meu~2  days  at  $1.50   ;$  6.00 

3  men  5  days  at    1.50 22.60 

Total     ,,,...,,. ^ ..  .$28.50 

This  gives  a  cost  of  60  ct.  per  cu.  yd.  for  excavating  and  hoist-, 
ing  the  material  and  dumping  it  on  the  ground  by  the  side  of  the 
hole.     This  cost  is  quite  reasonable  for  this  sort  of  wbrk. 

Cost  of  Picking  and  Shoveling  Hardpan.  {Engineering  and 
Contracting,  Dec.  16,  1908.)  In  a  clay  cut/m  some  railroad  work 
in  Ontario  Co.,  Ontario,  Canada,  some  ceinented  gravel  or  hardpan 
was  encountered.  The  bed  of  gravel  lay  along  the  bottom  of  ihe 
cut,  and  the  part  to  be  excavated  was  from  0.8  ft.  to  4  ft.  in 
depth.  The  cemented  gravel  was  so  hard  that  a  pick,  handled 
by  an  experienced  man,  would  only  enter  it  about  1^  in.,  but  the 
extent  of  the  work  was  so  small  that  the  contractor  did  not  feel 
justified  in  purchasing  a  pick  pointed  or  rooter  plbw. 

To  excavate  this  hardpan  with  picks  and  shqvels  required  4 
pickers  to  5  shovelers,  and  1  man  was  used  on  the  dump.  ^Vages 
were  15  ct.  per  hr.  The  extreme  haul  on  the  excavated  material 
was  1,000  ft.  At  first  4  carts  were  used  but  the  hauling  was 
finished  with  6  carts,  at  18  ct.  per  hr. 

In  all  500  cu.  yd.  of  -hardpan  were  moved  at  the,  foUovsring 
cost  per  cu.  yd.: 

Shoveling $0,304 

Loosening      0.245 

Dumping     0,030 

Hauling      0.195 

Total   per   cu.    yd $0,744 

This  is  a  high  cost,  although  the  allowance  of  18  ct.  for  carts  per 
hr.  is  small.  The  pickers  loosened  about  6  cu.  yd.  per  day  of  10 
hr.,  while  the  shovelers  shoveled  5  cu.  yd.  per  day  per  man.     This 
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is  a  low  record  for  shoveling,  but  as  the  layer  of  gravel  was  thin 
it  was  no  doubt  difficult  to  keep- enough  muck  loosened  to  allow 
the  men  to  get  a  good  shovelful  as  they  worked.  Although  the 
cost  of  loosening  is  nearly  one-third  of  the  total  cost,  yet  the  cost 
per  cu.  yd.  may  have  beeni  reduced  by  using  some  e.xtra  pickers, 
thus  allowing  the  shovel  men  to  make  a  greater  output.  ;  . 

A  Bating:  Table  for  Excavating  with  Pick  and  Shovel.  Mr.  L. 
T.  Sherman,  in  Engineering  and  Contracting,  May  27,  1914,  pre- 
sented a  novel  method  of  rating  the  probable  amount  of  excava- 
tion that  can  be  done  with  pick  and  shovel  in  various  materials. 
This  article  follows  in  full : 

The  accompanying  diagram, and  tables  represent  the  amount  of 
-  excavation  of  various  materials  which  will  be  performed  in  a 
10-hr.  day  by  the  average  laborer  working  under  good  super- 
vision. In  making  this  compilation  the  wj'iter  has  compared  a 
large  number  of  data  from  many  sources  with  figures  obtained  in 
his  own  experience  on  construction.  As  might  be  expected  there 
is  wide  divergence  in  such, published  data. 

The  curves  in  the  diagram  are  based  on  a  rational  relation  of 
one  class  of  material  to  another  as  regards  the  amount  of  work  or 
power  required  in  picking  or  shovel  cutting  and  the  power  re- 
quired in  casting  up  materials  of  different  weights.  The  output 
of  excavation  is  proportional  to  the  amount  of  power  or  TOrk 
required  to  move  a  cubic  yard  of  the  inaterial.  Let  the  amount  of 
work  or  power  to  cut  into  arid  fill  the  shovel  with  sand  be  called 
unity.  Then  for  other  materials  the  relative  power  to  cut  out 
and  place  on  the  shpvel  will  from  experience  be  as  in  Table  I. 

TABLE  I.— POWER  TO  PICK,  LOOSEN  AND  CUT  ONTO  SHOVEL 

Sand P  =  1.0 

Gravel,     loose     F  t=1.5 

Earth,    medium     P  =  2.0 

Clay,    light    P  =  3.0 

Clay,    dry,    hard    P  =  4.5 

Clay,    wet,    heavy    P  =  5jO 

Hardpan P  =  6.0 

The  work  or  power  to  lift  or  east  up  the  material  after  the 
shovel  is  filled  is  proportional  to  the  weight  of  material  and 
height  cast  or,  which  is  the  same,  the  depth  of  cut.  Then  if  W 
is  the  weight,  the  relative  power  to  cast  up  material  to  different 
heights  H  will  be  as  follows: 

Sand W  H  where  W  =  1.0 

Gravel W  H  where  W  =  1.0 

Earth,    medium    W  H  where  W  =  0.8 

Clay,    light    :'.:';.'.:... W  H  wher«  W  =  1:1        ' 

Clay,    dry    ;: W  H  where  W  =:;  1.1 

Claj;,    wet    W  H  where  \V  =  1.3 

Hardt)an    W  H  where  W  =  1.12 


L00S15NING  AND  SHOVELING  EARTH  111 

The  total  power  to  shovel  and  cast  any  material  is  P  +  W  H. 
The  output  is  inversely  proportional  to  the  power  or  work  re- 
quired. The  output  of  any  material  by  hand  excavation  in  cu. 
yd.  per  man  per,  10  hr.  is 

30 
Cubic  yd.  =  - 


:w  H 

The  constants  30  and  .3  are  empirical,  and  like  the  relative 
values  of  P  have  been  selected  to  correspond  with  the  best  data 
available  on  excavation  of  various  materials  at  different  depths  of 
cut. 

The  curves  in  the  diagram  Fig.  13  are  platted  according  to  the 
above  formula  with  coefficients  P  and  W  as  previously  noted. 
The  letters  represent  observations  from  various  published  state- 
ments and  are  not  equally  reliable  or  comparable.  The  curves  do 
not  attempt  to  average  the  data  but  correspond  with  the  writer's 
experience  and  some  of  the  most  definite  of  the  publiBhed  data. 

Table  II  shows  the  number  of  cu.  yd.  an  average  laborer  should 
excavate  and  cast  out,  at  various  depths  in  10  hr.  while  working 

TABLE  II.—  CUBIC  YD.  PEE  MAN  PER  10  HE.  AT  STATED  DEPTHS 


5  $  $,  &  S 

*3  .t^  4^  ^  t^ 

■"  ■"  ■",.!-■"  o 

O  CO  jWj      )      _  00  iH 

Sands     '. 21.2  li.5  10.7  -18.5-  ,5.2 

Gravel,    loose    15.t  11.8  9.2  '7,7  4.9 

Earth      12.8  10.5  9.0  7.5  4.9 

-  Light    clay     8.9  7.3  6.0  5.2  3.8; 

Dry    clay 6.4  5.3  4.7  4.1  3.2 

Wet    clay    5.4  4.7.  4.2  ,3.5  2.7 

Hardpan    4.6  4.2  3.7  3,3-  2.7 

Av«rage     10.7  8.3  6.9  6.7  3.9 

at  the  depths  stated.  Table  III  shows  the  average  number  of  cu. 
yd.  per  10-hr.  day  that  an  average  laborer  should  excavate  work- 
ing from  the  surface  to  the  depth  stated.  This  figure  for  the  same 
material  is  naturally  somewhat  greater  than  given  in  Table  11. 
These  figures  may  be  increased  by  30%  for  rapid  workers  and 
may  be  decreased  30%.  for  inefficient  workmen.  The  foregoing 
material  may  be  now  definitely  classified  as  follows: 

Sand.  Weight,  3,000  lb.  per  cu.  yd.  slightly  damp.  In  natural 
bed.     Not  over  15%  clay. 

Gravel.  Weight,  3,000  lb.  per  cu.  yd.  '  Loose,  as  excavated  ma- 
terial. 
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TABLE  III— AVERAGE  EXCAVATION  IN  CD.  YD.  PER  10  HR.  FOR 
CUTS  PROM  SURFACE  TO  STATED  DEPTHS 


:   Sand     , 21.2  18.1  15.1  13.6  lO.T 

Gravel,    loose    15.4  13.7'  11.8-  10.8  8.8    ■, 

Earth;,..! 12.8  11.7       ,    10,5,  9.7  '8.1            , 

Light    clay, 8  9            8.1            7,3    '         6.7  $.8 

Dry    clay    ....: 6.4  .5.9            5.4  5.1  4.5 

Wet    clay     5.4            6.1            4.7  .4.4  3.8 

Hardpan    ,  4.6            4.4            4,2  3.9  3,5 

Earth.  Weight,  2,400  lb.  per  cu.  yd.  Slightly  damp,  in  natural 
bed,  easily  plowed,  little  or  no  pick  work  required.  Would  re- 
quire Soine  sheeting  in  trenches  over  6  ft.  deep. 

Clay    (light).     Weight,   3,300 -lb.    per   cu.  yd.     Slightly  damp, 

.  easily  plowed.     Not  stiff  or  very  cohesive,  corresponds  to  yellow 

clay  lying  below  the  black  soil  and  above  the  blue  clay  in  vicinity 

of  Chicago.     Would  require  some  sheeting  in  trenches  over  0  ft. 

deep.     Little  pick  work  required. 

Clay  (dry,  hard).  Weight,  3,300  lb.  per  cu.  yd.  Requires  pick 
work  equal  to  one-third  time  spent  in  shoveling  and  casting.^  No 
sheeting  required  at  any  depth.  Corresponds  to  material  on  top 
of  ravines  along  the  lake  shore  in  Lake  County,  111.  Hard  plow- 
ing.    Adobe  in  this.class.     ,  .(     i.  |  ;       ,.,,,.: 

Clay  (wet).  Weight,  3,900  lb.  per  cu.  yd.  Tough  and  cohesive, 
has  to  be  cut  out  in  pieces.  Slightly  sticky,  would  require  sub- 
stantial sheeting.  Corresponds  to  th6' underlying '"  blue  clay  "of 
Chicago.     Gumbo  in  thi's  class. 

Hardpan.  Weight,  3,360  lb.  per  cu.  yd.'  Requfrea  picking 
equal  to  one-half  the  timfe  .spent  in  shoveling  and  oastiilg.' 

The  use  of  the  relative  ooeflicieiit  P  is,  suggested  as  a  simple  3^d 
definite  means  of'  describing  or  designating  any  class  of  e^jrth  ex- 
cavation.    .  ;  ■ 

The  jog  in  the  curvea  (Fig.  13)  at  depth  of  9  ft.  represents 
an  allowance  of  P  ^  1  on  account  of  extra  labor  of  shov,el  cutting 
done  in  recasting  from  a  platform.  A&  a  matter  of  fact  no  re- 
casting may  be  done  at  the  9-f  depth  or  even  1,4-ft.  depth,  but  the 
output  per  man  will  not  be  increased  over  the  quantity  shown 
by  the  diagram.  ■ ,  ,  . 

The  recorded  dataplatted  on  Fig.  ISare  designated  by  a  ^letter 
for  the  class  of  material.  , The. number  following  the  lejit^r  refers 
to  the  source  from  which  the  data  were  obtained,  as  follows,;  ( 1 ) 
"American  Engineers'  Pocket  Book";  (2)  "Handbopk  of  Cost 
Data,"  Gillette;    (30   -"Earthwork,"  Gillette;   (4)  L.  K.  Sherman; 
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(5)  Windette,  Journal  JVest.  Soc.  Engrs.;  (6)  "Concrete  Costs," 
Taylor  &  Thompson;  (7)  Orrock;  (8)  Prelini;  (9)  Engineering 
and  Contracting  (December,  1908),  "Atlantic,  Iowa,  Sewers;" 
M.  A.  Hall;  "  Centervllle,  la.,  Sewers,"  M.  A.  Hall;  (\Q)  Engi- 
neering and  Contracting;   (11)   Engineering  and  Contracting. 

From  the  output  recorded  by  Mr.  Sherman  In  the  foregoing 
statement,  we  "have  deduced  the  outputs  in  average  material  at 
depths  of  from  0  to  6  ft.,  6  to  12  ft.,  12  to  18  ft.,  and  over  18  ft. 
These  averages  are  presented  in  Table  IV,  together  with  averages 
of  the  outputs  as  given  by  Mr.  Windette,  given  in  the  chapter  on 
trenching  and  with  those  of  the  author,  given  in  the  same  chap- 
ter. These  average  outputs,  recorded  by  different  engineers  in 
widely  separate  parts  of  the  country,  compare  very  well.  For  a 
depth  of  from  12.  to  18  ft.  the  average  as  noted  by  the  author 
seems  to  be  too  high.  ,  This  may  be  accounted  for  by  the  fact  that 
this  work  was  done  under  first  class  supervision  and  under  other 
favoring  conditions. 

TABLE  IV,   CU.  YD.  EXCAVATED  PER  MAN  HR.  WITH  PICK  AND 
SHOVEL  IN  AVERAGE  MATERIAL 

Authority 
18  + 

Author  ' 

0.260  Windett 

Sherman 

In  average  materials  the  output  pes  man-hour  may  be  expected 
to  be  as  follows: 

For  depths  of  from  0  to  6  ft.,  1  cu.  yd. 
For  depths  of  from  6  to  12  ft.,  0.7  cu.  yd. 
For  depths  of  from  12  to  18  ft.,  0.4  cu.  yd. 
For  dejjths  over  18  ft.,  0.26  cu.  yd.  and  less. 

Conclusions.  From  the  foregoing  data  we  may  draw  some  prac- 
tical'cbnclusions;  for  example:  (1)  Men  should  be  close  enough 
to  the  wSgon  or  other  vehicle  being  loaded  not  to  be  required  to 
take  even  a  few  steps  before  casting.  (2)  The  farther  away  a 
man  is  from  a  wagon,  the  less  number  of  shovelfuls  he  can  cast 
in  a  given  time.  (3)  As  each  shovelful  is  also  smaller,  a  man 
IZ  or  15  ft.  away  ii'om  a  wagon  will  load  about  half  as  much  as 
if  he  were  only  about  4  or  5  ft.  from  it.  Therefore,  in  loading 
wagons,  it  does  not  pay  to  crowd  men  around  it;  no  more  than 
six  should  be  allowed.  (4)  Large  sh9vels  should  be  used.  (5) 
Men  should  work  to  a  face  wherever  possible.  (6)  A  temporary 
floor  should  be  laid  down,  so  that  the  earth  will  fall  on  the  floor, 
from  which  it  can  be  more  easily  shoveled.  (7)  A  high  bank 
should  be  undermined  witli  picks,  and  wedged  off  or  blasted  off 


Dep 

th  in  ft. 

0-6 
0.923 
1.050 
0.950 

6-12 
0.737 
0.720 , 
0.630 

12-18 

0.638 

■   ,0.370 

0.390 

LOOSENING  AND  SHOVELING  EARTH  1,15 

the  top.  (8)  Picking  should  never  be  resorted  to  ■yvhen  plowing 
can  be  used.  (9)  When  earth  is  loosened,  by  whatever  means,  it 
should  be  loosened  thoroughly. 

Cost  of  Casting  Clay  for  Tilling  in  Behind  Betaining  Wall. 
{Engineering  and  Contracting,  Jan.  22,  1908.)  Some  earth  had 
to  be  cast  behind  a  low  retaining  wall.  The  work  was  done  by 
company  forces,  the  foreman  being  paid  $2.50  per  day.  of  10  hr-, 
and  men  $1.50.  The  material  was  a  heavy  black  clay  with  a 
large  amount  of  vegetable  matter  in 'it,  and  very  wet.  The  men 
did  not  have  to  stand  in  the  water,  except  in  a  few  places,  but 
their  shovels  were  frequently  submerged^  The  §oil  was  e.vca- 
vated  to  a  depth  of  from  12  to  18  in.,  and  at  high  tide  there  was 
always  water  in  the  holes  that  were  being  dug.  ,  Most  of  the 
material  was  spaded,  but  where  roots  and  similar  material  were 
encountered,  mattocks  were  used  to  loosen  it.  The  earth  was  cast 
from  5  to  10  ft.,  and  the  bank  was  made  about  4  ft.  high.  The 
work  was 'hard  and  difficult.  The  material  stuck  to  the  shovels, 
and  the  water  disintegrated  the  clay,  causing  a  man  to  make  sev- 
eral attempts  to  get  a  fair  shovelful  when  he  was  shoveling  where 
there  was  water. 

About  16  men  worked  under  a  foreman.  The  work  was  done 
in  the  early  part  of  the  winter.  In  all  522  cu.  yd.  of  excavation, 
place  measurement,  was  made.     The  coat  per  cu,  yd.  was: 

'  Foreman  at  25  ct.  per  hr $0,043 

Men  at  15  ct.  per  hr 0.454 

Total     $0,497    , 

This  me^nt  that  one  man  loosened  and  shoveled  in  a  day  about 
3^  cu.  yd.,  which  is  a  small  output. 
^The  Cost  of  Excavation  for  Pavement  and  Curh,  New  York. 
In  an  article  in  Engineering  and  Contracting,  May  16,  1906,  a, 
writer  gives  the  following  cost  for  excavation  for  asphalt  pave- 
ment and  a  concrete  curb  on  Broadway,  from  110th  to  11 9th  St., 
New  York  City,  in  November,  1904. 

Asphalt  pavement  excavation  Per  cu.  yd^ 

Foreman    at   $3.75 ......<. ,$0,026 

liaborers    at   $1.50 ......,,.....,.  0.201 

Teams   at  $5.50    ,.  0.088 

Plowing    at    $4.00    ; 0.018     > 

'      Carts    at  $4,00    ..' 0,010 

For  1,985  cu.  yd.,  cost  per  cu.  yd $0,443 

Excavation  for  curbs  Per  lin.  ft, 

JForeman    at   $3.75    . . , ,', , ,,,,,; ,'  ;$0.004 

Laborers    at   $1.50 , 0,020 

For  2,253  lin.  ft.,  per  lin.  ft $0,024 
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Teams  with  wagons  cost  $5.50,  but  as  the  contractor  owned 
plows  and  carts;  if  was  necessary  to  hire  only  teams  and  drivers, 
which  reduced  the  daily  rata  per  team  to  $4.00. 

Cost  of  Excavatiott  and  Backfill  on  a  Bridge  Abutment.  Engi- 
neering and  Contracting,  May  30,  1906,  contains  the  detailed /ost 
of  a  masonry  bridge  abiitment  on  the  Detroit,  Lansing  &  Northern 
R.  R.     The- (iost  of  excavation. and  backfill. was  as  follows:  '   . 

'  .  .     ,      f      , . ,         E^pavation 

Foreman,  8.9  days,  at  $1.75 ' $15.5S[ 

Laborers,   64.8  days  at  J1.50   97.20 

Ehgineman,   0,4' days  at  $1.76   .../, 0.70 

Derrickman,  0.4  days  at  $1.50,..., 0.60 

Total,   772  cu.  yd.  at  $0.15  ...; .............$114.08        -, 

The  removal  of  excav3,tpd ,  mattei;  'was  done  almost  entirely  *ith 
wheelbarrows.,  The  materia]  was  sand  and  was'.'  wasted.  The 
overhaul  was  short,  the  lead  being  75  ft.  ^ 

Backfill 

Foreman, '2.4  days  at  $3.00 $6.80         , 

Foreman,  6.3  days  at  $1.76   ,  11,03 

,    Laborers,  37.8!  da.vs  , at  $1.50, 56.70 

Engineman,   3:6  days   at  $1.75   '.......'  6.30. 

Derrickman,  3.6  days  at  $1.50 5.40 

Total,  380  cu.  yd.  at  $0.23   .....; $86.23 

Excavation  for  Retaining  'Wall.  The  following  from  Smjfineer- , 
ing  and  Contracting,  May  30,  1916,  relates  to  the  construction  of 
a  retaining  wall  at  the  round  house  of  the  Detroit,.  Lansing  and 
Nqrtliern;  R.  R.,  at  Grand  Rapids,  Mich.  The  contractor  fur- 
nished the  labor  only.  The  excavation  was  nearly  all  stiff  'fclay 
■\vith  ston,eiand  sma;ll  boi?lders,  making  hard  digging.  Almost  all 
of  th'e  excavated  matter  was  handled  twice,  cast  oilt  oh  the  ground 
and  then  loaded  on  flat  cars.  The  time  given  for  excavation  in- 
cludes $6  or  $8  worth  of  time  spent  in  moving  cars.  In  all  of 
the  work  the  contractor  was  considered  as  a  foreman  and  was 
allowed  40  ct.  per  hr.  for  the  time  he  himself  actually  worked. 
In  all  of  the  cases  the  foremen  hours  are  for  the  hours  during 
which  actual  work  was  done  by  them;  that  is  to  say,  the  foreman 
not  only  acted  as  overseer,  but  also  did  actual  work,  excavatilig, 
laying  stone,  etc. 

The  cost  of  the  excavation  work  was  as  follows: 

Foreman,    33    hr.,    at    40    ct $13.20 

Foreman,    104    hr.,    at    22%    ct 23.40 

Laborer,    286    hr.,    at    12%    ct 35.63 


Total     $72.23 
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A  total  of  168  cu.  yd.  was  excavated  at  a  cost  of  $0.43  per  yd. 
The  contract  price  at  which  the  work  was  let  was  $.0.25. 

In  backfilling,  the  earth  was  wheeled  from  the  flat  cars  and 
placed  back  of  the  wall.  A  small  amount  of  earth  was  cast  in 
directly  from  the  bank.     The  cost  of  this  work  was  as  follows: 

Foreman,  4  hr.  at  4p  ct $1.60 

Foreman,  11  hr.  at  22^  ct 2.48 

Laborer,  52  hr.  at  12%  ct 6.50 

Total '. ; $10.58 

The  back  filling  amounted  to  63  cU.  yd.,  and  this  was  done  at 
a  cost  of  $0.17  per  cu.  yd. .  The  contract  price  was  $0.25  per  cu. 
yd. 

Cost  of  Excavation  for  a- Railway  Culvert.  This  job,  as  de^ 
scribed  in  Engineering  and  Contracting,  Aug.  12,  1908,  was  done 
on  some  railroad  construction  in  Tennessee.  The  culvert  was  a 
4x4  box  culvert  of  rubble  masonry,  42  ft.  long.  The  excavation 
was  12  ft.  wide  and  2%  ft.  deep.  The  material  excavated  was  a 
dry  sandy  clay:  that  was  easily  worked,  although  it  had  to  be 
picked  before  it  could  be  shoveled.  When  material  in  culvert 
excavation  can  be  spaded,  thus  saving  the  picking,  the  work  can 
be  done  much  cheaper. 

The  excavated  material  in  this  case  was  shoveled  on  to  the 
ground  on  each  side, of  the  culvert,  the  ends  being  left  open.  At 
each  end  of.  the  culvert  a  ditch  4  ft.  wide  was  c  t  to  the  culvert 
excavation,  niaking  53  cu,  yd.  of  excavation  for  the  culvert  and 
ditches.  This  earth  piled  up  on  the  two  sides  of  the  pit  would 
make  about  65  cu.  yd.  loose  measurement,  making  it  necessary 
to  handle  some  of  the  material  a  second  time.  This  fact  and 
likewise  the  width  of  the  pit,  12  ft.,  necessitated  casting  the  earth 
some  distance,  thus  ^dding  to  the  cost  of  the  work.  At  least  half 
the.  material  was  handled  a  second  time,  and  about  10%  was 
handled  three  times. 
iThe  cost  of  -  the  work  was,  as  follows  per  cu.,  yd.: 

Foreman  at  25  ct.  per  hr '. $0.14 

Laborers  at  12.5  ct.  per  hr 0.59 

'  Water  boy  at  5  ct.  per  hr .'. 0.03 

Total     ....:. .: $0.76 

A  man  excavated,  that  is  picked  and  shoveled^  about  2  cu.  yd. 
per  day,  of  the  original, excavation,  or- about  31^  e  ■.  yd.  per  day 
including  the  material  that  was  handled  more  than  once. 

This  is  a  very  high  .cost  for  this  work.  One  reason  fijir  this 
high  cost  was   a  very  inefficient   foreman.     lie   was   discharged. 
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Another  reason  was  that  the  contractor  did  not  furnish  long  han- 
dled shovels  to  the  men.  To  east  the  earth  10  ft.  or  more  with 
short  handled  shovels  was  much  more  expensive  than  if  long 
handled  shovels  had  been  used.  - 

In 'Efigmeering  and  Contrdcting,  Aiig.  5,  1908,  the  following 
cost  of  excavating  for  a  culvert  is  given. .  This  culvert  was  a 
3x4  box  masonry  culvert,  the  excavation  being  40  ft.  long  and 

9  ft.  wide,  and  averaged  1  ft.  in  depth.  The  material  was  sandy  - 
gravel  and  stiff  clay.  The  stream  was  a  small  one  and  was  easily 
diverted  to  one  side,  but,  owing  to  the  top  soil  being  sandy  gravel, 
the  water  percolated  into  the  foundation  as  fast  as  it  was  dug. 
However,  it  was  not  necessary  to  pump  it  out,  as  a  small  trench 
cut  at  the  lower  end  of  the  foundation  pit  carried  off  the  water, 
care  being  taken  in  tarrying  on  the  excavation  to  do  it  so  that  the 
pit  drained  itself  hy  means  of  this  trench.  However,  this  water 
made  the  clay  wet  and  heavy  and  much  more  expensive  to  handle. 

The  crew  that  did  the  work  consisted  of  a  foreman  and  4  men, 
who  finished  the  job  in  one  day.  There  were  13  cu.  yd.  of  ma- 
terial excavated,  at  the  following  cost  per  cu.  yd. ; 

Foreman,  at  25  ct.  per  hr $0.19 

'       Laborers,   at  15  ct.  per  Iir 0.45 

Hi  Total J0.64 

This  shows  how  large  a  proportion  of  the  cost  the  foreman 
charge  can  be,  where  the  gang  is  necessarily  small.  In  this  case 
supervision  was  nearly  33%  of  the  total  cost.     Each  workman  in 

10  hr.  excavated  3^  cu.  yd.  This  meant  that  he  loosened  and 
shoveled  it..  With  the  material  dry  and  in  a  bank  it  would  have 
been  possible  for  a  man  to  have  done  at  least  10  to  12  cu.  yd.  in 
a  day,  thus  showing  that  jprices  paid  for  ordinary  excavation 
would  not  cover  the  cost  of  this  wet  excavation. 

Labor  Cost  of  Excavating  in  Stiff  White  Clay.  Engineering 
and  Contracting,  May  15,  1918,  gives  the  following: 

The  following  labor  costs  cover  the  excavation  in  stiff,  white 
clay  for  a  sewage  disposal  plant.  The  excavation  was  19^  ft. 
long  by  14  ft.  wide,  7  ft.  deep  and  contained  71  cu.  yd.,  The  work 
was  done  during  good  weather,  but  by  a  poor  foreman  and  aver- 
age crew.  Some  water  seeped  in  the  bottom  foot,  delaying  the 
work  somewhat. 

The  costs  follow: 

Per  cu.  yd. 

Foreman,  40  hr.  at  40  ct $0,225 

Labor   (excav.),  246  hr^  at  35  ct 1.210 

Labor   (timbering),  16  hr.  at  35  ct , 079 

Total    (71   cu.   yd.)    $1,314 
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The  above  costs  cover  excavation  only.  Hauling  away  surplus 
earth  is  not  included.  The  backfill  (16  cu.  yd.)  cost  28  ct.  per 
cu.  yd. 

Handling  Soft  Material.  On  ditching  work  in  light  marshy 
soil' Tvhere  tough  god  and  numerous  small  roots  are  to  be  con- 
tended withr  a  hay  knife  will  be  found  useful.  This  should  be 
pushed  as  deep  as  possible  along  each  side; of  the  ditch,  cutting 
the  roots  so  that  each  spadeful  has  one  side  free.  Other  data 
on  the,  subject  of  handling  soft  material  will  be  found '  in  the 
chapter  on  ditches. 

Excavating  Swamps  in  Freezing  Weather.  In  the  Journal  of 
New  England  Water  Works  Association,  Vol.  15  (1900)/  Mr. 
John  L.  Howard  gives  a  description  of  a  method  of  excavating 
a  swamp.  A  Hay*ard  grapplfe  excavator  loaded  the  muck  into 
the  hopper  from  which  it  was  distributed  into  cars  holding 
about  1  cu.  yd.  each.  These  cars  were  hauled  in  trains  of  six 
by  a  hoisting  engine  to  the  top  of  the  dump  along  which  they 
were  switched  to  the  place  of  disposal.  The  muck  was  so  com- 
pletely saturated  with  water  that  the  dump  became  a  quagmire. 
A  platform  was  built  under  the  track  to  keep  it  from  sinking, 
but  after  every  shower  more  planks  and  considerable  labor  were 
required  to  keep  it  in  alignment,  and  even  then  the  cars  would 
not  stay  on.  , 

The  difficulty  was  solved  by  waiting  until  cold  weather  set  in. 
The  surface  of  the  ground  became  frozen  and  carts  could  be  used 
without  any  difficulty.  A  pump  sump  was  kept  well  down  ahead 
of  the  excavator. 

Cost  of  Flowing.  A  plow  or  a  pick  is  ordinarily  used  for  loos- 
ening, the  plow  being  the  most  economic  under  ordinary  condi- 
tions.       '     -     -  -  V 

Whenever  the  word  "  team "  is  used  I  mean  two  horses  and 
their  driver;  if  I  refer  only  to  the  horses,  I  shall  say  a  horse 
or  a  pair  of  horses. 

A  two-horse  team  with  a  driver  and  a  man  holding  the  plow 
will  loosen  25  cu.  yd.  of  fairly  tough  clay,  br  35  cu.  yd.  of  gravel 
and  loam  per  hr.  In  the  far  West  some  contractors  always 
use  a  four-horse  plow  even  in  light  soils,  but  when  very  tough 
clay  or  hardpan  is  encountered  a  pick-pointed  plow  with  four 
to  six  horses,  and  two  extra  men  riding  the  plow  beam  will 
always  be  required,  and  will  loosen  15  to  20  cu.  yd.  per  hr. 
In  such  soil  a  steam  roller  or  a  tractor  isi  very:  effective,  and  more 
economic  than  horses  as  a  plow  puller. 

One  example  to  show  the  high  cost  of  plowing  the  hard  crust 
of  an  old  road  will  suffice:  An  old  village  street,  partially 
graveled,  was  plowed  up  9  ft.  wide  X  1,400  ft.  long  X  14  in.  deep 
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(=^550  cu.  yd.)  by  one  plow  team  with  driver  and  a  man  holding 
plow,  in  2%  days,  or  244  cu.  yd.  per  ddy,  at  a  cost  of  2  ct.  per 
cu.  yd.  Another  similar  but  harder  stretch  was  plowed  with 
two  teams  on  the  plow  and  a  man  riding  the  plow-  beam,  at 
a  cost  of  6  ct.  per  cu.  yd.  While  the  average  cost  of  pltfwing 
5,500  cu.  yd.  of  such  compacted  gravel  and  earth  roadway  was  4 
ct.  per  cu.  yd.  for  plowing  alone,  wages  of  men  being  15  ct.  an 
hour  and  team  with  driver  35  ct.  an  hour.  Contractors  having 
old  streets  or  roads  to  loosen  will  do  well  to  keep  in  mind  these 
figures. 

Morris  found  that  a  team,  a  driver,  and  a  plowman  would 
loosen : 

20  to  30  cu.  yd.  per  hr.  of  "  strong,  heavy  soil." 

40  to  60  cu.  yd.  per  hr.  of  "  ordinary  loam." 

Specht  states  that  a  six-horse  plow  with  one  driver  and  one 
plow  holder  would  loosen  1,000  cu.  yd.  of  sand,  and  700  cu.  yd. 
of  sandy  loam  per  day,  ready  for  the  buck  scrapers  to  remove. 

Earthwork  Plows  are  of  rugged  construction  as  their  chief 
use  is  in  very  hard  ground.  A  plow  made  by  the  Baker  Mfg. 
Co.  is  shown  in  Fig.  14.  It  is  made  in  the  following  weights  and 
sizes: 

No.  horses  Beam  Weight 

No.  0  2  ,6      ft.  180  lb. 

No.  1  2  to  4  61^  ft.  200  lb. 

No.  2  4  to  6  1%  ft.  270  lb. 

No.  3  6  to  8  .    ,    S^ift.  350  lb.   . 

All  sizes  cut  a  12-in.  furrow. 


Fig.  14.  ,  Bailroad  and  Township  Grading  Plow. 

A  plow  lyeighiug  only  150  lb.,  and  said  to  be  light  enough 
for  two  horses  and  at  the  same  time  strong  enough  to  resist  the 
pull  of  ten  horses  is  shown  in  Fig.  15. 

In  tearing  up  hardpan,  frozen  ground,  macadam,  etc.,  a  special 
type  of  plow  called  a  rooter  is  used.  It  does  not  turn  over  the 
soil  as  does  the  ordinary  plow  but  merely  loosens  it.  A  rooter 
plow  which  complete  Weighs  275  lb.  is  shown  in  Fig.  16.  It  can 
be  Used  with  either  horses  or  a  traction  engine. 
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Fig.  15.    Light  Grading  Plow. 


Fig.  16.     Steel  Beam  Rooter  Plow. 


The  following  table  gives  the  cost  of  plowing  when  wages  of 
laborers  are  $1.80,  and  of  teams  (2  horses  and  driver)  $5.40  per 
day  of  9  hr. 

COST  OF  PLOWING 


Soil  Labor 

Loam     1  drivej;,  1  holder,  2  horses 

Gravel    and    loam.l       "       1  '     '*         2     '"" 
Fairly   tough    clay.l       "       1       "         2      " 
Very    hard    soil...l       "       1       "     4-6      " 
2  men  oil  plow  beam  of 
rooter    plow 
Ordinary   soil    ...  .1  driver,  6  horses  on  gang 
plow 


it 


per 

■    50 

35 


15-20 
40 


Per 

cu.  yd. 

$0,014 
0.023 
0.032 


0.08 
0.03o 


Gang  Rooter  Plow.  Fig.  17  shows  the  improved  model  of  the 
Petrolithic  gang  road  rooter  plow  (made  by  W.  A.  Gillette,  South 
Pasadena,  Calif. ) .  It  consists  of  a  steel  frame  with  two  wheels 
in  front  and  the  same  number  in  the  rear.  The  wheels  are  con- 
trolled by  levers  so  they  can  be  raised  or  lowered  from  the 
ground.  In  this  manner  the  exact  depth  to  which  the  rooters 
or  plows  penetrate,  can  be  regulated.  If  it  is  desired  to  loosen 
a  crust  only  2  in.  deep,  it  can  be  done;  if  it  is  desired  to  plow 
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to  the  depth  of  12  in.,  this  is  also  possible.  The. five  rooters  or 
plows  are  so  fastened  in  the  frame,that  any  one  or  all  can  he 
removed  if  desired,  and  each  rooter  is  provided  with  a  removable 
point,  which  can  be  taken  oif  and  sharpened  without  removing 
the  entire  rooter  froja  the  frame. 

Only  one  man  is  required  for  operating  a  steam  roller,  which 
serves  as  a  traction  engine,  and  the  gang  rooter.  At  the  end  of  a 
run,  this  engineman  simply  raises  the  rooters  out  of  the  ground 
by  meanfe.of  a  lever,  turns  around,  sets  the  levers  again  and  goes 
back.  Engineering  and  Contracting,  Nov.  10,,  1909,  states  that 
this  gang  rooter,  and  a  rOad  roller  or  traction  engine,  has  actually 
broken  more  ground  in  one  day  than  12  horses  hitched  to  an  or- 
dinary rooter  plow  had  previously  broken  in  6  days. 


Fig.  17.    Petrolithic  Gang, Road  Rooter  Plow. 


Mr.  W.  A.  Gillette,  in  Engineering  and  Contracting,  June  2S, 
1911,  gives  the  cost  of  plowing  an  old  street  with  one  of  these 
Petrolithic  gang  rooters.  The  machine  was  drawn  by  a  12-ton 
gasoline  road  roller.  «  One  man  operated  the  rooter,  which  was 
easily  set  so  as  to  break  ground  at  any  depth  from  6  to  15  in. 
in  a  strip  5  ft.  wide.  The  gasoline  roller  developed  sufficient 
power  to  pull  the  rooter  in  an  old  and  very  hard  asphaltic  oiled 
road.  It  lost  very  little  time  for  stops  and  used  a  minimum  of 
fuel,  no  stops  were  made  during  working  hours  to  take  on  fuel. 
A  usual  day's  work  was  nine  hours.  The  operating  cost  of  the 
roller  was  as  follows: 
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'  '-■  Per  day 

i       35  to  40  gal.  distillate   @   8  ct.^per  gaL   $3.20  ._ 

0.75  gal.  lubricating  oil  @  45  pt.  per  gal ■    0^4, 

Engineman      , t 4.00 

Total     ; J7:64 

Dynamometer  Tests  on  Plows.  Engineeiing  'Sews,  ^Aug.  17, 
1911,  published  the  results  of  some  tests  made  by  Wm.  Clyde 
Willard. 

In  making  the  tests  a  "  Pattern  B "  Sehaeffer  &  Budenberg 
recording  dynamometer  registering  to  4,000  lb.  was  used.;  In  this 
instrument  the  paper  record  slip  was  fastened  on  a  drum  4  jn. 
in  diameter  making,  one  revolution  per  hr. , 

The  results  in  pounds  were  obtained  by  planimetric  averaging 
from  the  record  slips.  The  area  enclosed  by  the  dynamometer 
autograph,  the  zero  line  and  the  ordinate  at  beginning  and  end 
of  '.run,  was  measured  by  a  rolling  planimeter.  This  area  was 
divided  by  the  length  of;  the  zero  line  to  give  average  pull.  Some 
difficulty  was  encountered  owing  to  the  fact  that  the  clockwork 
which  revolved  the  drum  of  the  dynamometer  ran  so  slowly  that 
the  lines  made  by  the  pencil  overlapped  each  other  to  such  an  ex- 
tent that  it  was  impossible  to  trace  out  each  separate  line.  .,To 
overcome  this  the  lines  joining  the  points  of  maximum  and  mini- 
mum pull  were  traced  by  the  planimjeter  and  the  mean  <>f  the 
two  areas  taken  as  the  result.  This  probably  gaye  as  accura<te 
a  result  as  could  have  been  obtained  had  it  been  possible  to  trace 
each  pencil  line  throughout  its  entire  length. 

In  conjunction  with  the  tests  on  wagons  several  tests  were 
made  to  -determine  the  tractive  resiatance  of  plows.  The  results 
should  be  of  great  interest  to  all  users  of  plo^s  lOr  to  those  in- 
terested in  farm  mechanics.  Two  plows  of  different  manufacture 
were  used.  Test  group  A  (Table  I)  was  made  with,>  Parlin 
&  Orendorf  14^rin.  two-bottom  gang,  plow;  test  group  B  (Table 
II)  was  made  .with  an  Oliver  chilled  14J^-in.  two-bottom  gang 
plow.  Each  plow  was  drawn  by  six  horses.  The  results  are 
tabulated  below. 

TABLE    I.— TRACTIVE    RESISTANCE    OF   PLOW   IN   STHBBLE 

LAND 
Testr  Draft 

number  Description  ^      ,  in  lb. 

1  7-in.  cut,  loose  stubble  land  on  about  a  10%  grade,  man  rode    900 

2  Same  as  1,'  eiicept  that  man  ^walked   : 883 

S      All    conditions    the    same    as    1,    except   that    the    coulter    was 

moved   V4-}n.  toward  the  land  side  of  the  furroff   and  sev- 
'eral  boltB  about  flie  plow  were  tightened iv. i776 

4  Same   as  3,  except  man  walked.    (The  increase  in  draft  was 

caused    by    the    plow    not    scouring    for    a    part    of    the    dis- 
tance. ) 822 

5  7%-in.  cut,  otherwise  the  same  as  4 849 
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TABLE    II.— TRACTIVE    RESISTANCE    PLOW    IN    CLOVER    SOD 

Test  Draft 

number  Description       '       .    '-  ■     in  lb. 

6      6^-in.  cut,  heavy  clover  sod,  almost  level 949 

,     7      6^-in.   cut,    thin   clover   sod,    coulter   ^-in.    in  furrow,   furrow 

wheel   ran   free    '■ ■....'."..•■•• 850 

8  Same    cut    and    sod    as    7,    coulter    %-in.    outside    of    furrow, 

furrow  wheel  %-in.  below  land  side 689 

9  Same    sod    and    cut    as    7    and   8,    coulter    same    as   8,    furrow 

wheel  %-in.  below  ISnd  side   .......i...    697 

In  the  tests  reported  in  Table  I,  a  change  of -i^i"-  i°  the 
position  of  the  coulter  made  a  difference  in  draft  of  124  lb.,  or  a 
difference  df  almost  one  horse.  Tests  1,  6  and  7  show  the  differ- 
ence in  resistance  of  the  two  sods  and  stubble.  Tests  7,  8  and 
9  show  the  change  in  draft  made  by  a  shift  in  the  positions  of  the 
furrow  wheel  and  coulter.  Comparing  7  and  8  itia  seen  that 
shifting  the  position  of  thei  coulter  %-in.  and  lowering  the  furrow 
wheel  %-inj  made  a  difference  in  draft  of  161  lb.,  or  over  one  horse 
difference.  Five  horses  could  have  pulled  the  plow  easier  after 
the  shift  than  the  six  could  before.  The  resistance  is  increased  by 
having  the  furrow  wheel  too  low,  as  shown  in  Test  9; 

Cost  of  Flowing  with  a  Steam  Traction  Engine.  Engineering 
and  Contracting,  June  16,  1909,  gives  the  following: 

It  is  only  within  the  last  ten  years  or  so  that  the  feasibility 
of  plowing  with  traction  engines  has  become  generally  recog- 
nized. The  results  obtained  have  been  very  satisfactory,  and 
when  it  is  remembered  that  one  man  with  a  plowing  outfit  can 
do  much  more  work  than  six  or  eight  with  horses,  the  advantages 
of  this  method  on  the  large  farms  of  the- West  are  obvious.  Some 
data  on  the  cost  of  steam  plowing  taken  from  letters  written  to 
the  manufacturers  by  users  of  the  traction  engine  are  given  below. 

The  first  piece  of  work  for  which  data  are  given  was  done 
in  Missouri  last  year,  a  20  hp.  Riimley  Standard  traction  engine 
and  an'8-gang  14-in.  Moline  steam  plow  being  used.  An  average 
of  18  acres  per  day  was  plowed,  the  cost  of  operating  per  day 
being  as  follows:  ,     ' 

Total  Per  acre 

Bnglneman     .......,., $3,00  $0,166 

Water  and  fuel,  hauled  with  team  2.50  .139 

Plowman      '. 1.00  .055 

Coal     3.00  .166 

Plow  sharpening,   oil,   etc 50  .027 

Total      1 $10.00     -     $0,553 

The  next  piece  of  work  was  done  in  North  Dakota,  a  30  hp. 
Rumley  engine  and  Emerson  16-in.  plow  being  used.-  The  cost 
was  as  follows: 
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Per  acre 

.     Coal,  at  $6  per  ton,.  90  Ib^iper  acre  $0.27 

•Cyjinder  oil,  at  40  ct.  per  gallon   0H4 

Ua«hine  oil,  at  20  ct.  per  gallon 01 

Fireman,'  $2.50   per   day 06^, 

Water,  team  and  man  for  hauling,  $4  per  day .10 

Sharpening    lays '.        .01 

Gear  grease,  4  ct.  per  lb .00% 

Total !.....  ir.i '..    $0.47 

It  will-  be  noted  that  i  there  is  no  allowance  made  for  engine- 
man  in  the  above,  the  owner  of  the,  outfit  probably  acting  as 
suqh.  Charging  this,  item  up  at  $4.00  per  day  would  bfing  the 
cost  per  acre,  to  57  ct.  ^  The  fireman  alg^o"  probably  ,acted'  as  plow- 
man. The  outfit  traveled  2^4  miles  per  hr.,  cutting  J.6i^  ft., 
thus  averaging  four  acres  per  hr.,  allowing  for  stops.  ,TJie  last 
piefie  of  work  was  also  done  in  North  Dakota,  a  30-hp.  Rumley 
plowing  engine  being  used.  The  ground  was  stony  and  hilly  and 
a  disc  plow  with  14, discs  and  cut,ting  11  ft.  wide  was  used  for 
'breaking  the  ground.  An:  average  of  16  acres  of  ground  was 
brokrai  per)  12-hr.  day,  th^  cost  .being  as  follows:.  ,        , 

■  '    '  iiLiri.     ,',.-,■'-,.                         <  ,    ,,  Total'  Per  acre 

':Coal,  2,300'  lb.','  it  $7.50  per  ton   ...'.';.!|. ... ..  $  8.05''  .  $  .50 

Water,  team  and  man  for  hauling  V..'..' 4.50'  ,'      .28 

',    .■Engineer     U-^- ■:■■-, •■• 3.00  .11 

I,       ,Plown^a^    (who  also  fired)    2.00  .12 

*'  '     '  'Oil- aild    incideiitals'   1.00  .06    ,  . 

Total      ....'■ $18.65  $1.07 

■  Later  on  this  ground  was  put  in  shape  for  the  drill  at  a  cost 
of  about  50  to  60  ct.  per  acre.  To  do  this  the  traction  engine 
was  used  to  three  sections  of  21  discH  cutting  18  ft.  i  wide  with  a 
large  drag  and  floiat  b^hiild.      '  ,    ;.:      : 

Tractor  Flowing:  Mr.  J.  Gardner  Bennett  i  in  Engineering 
Veios,  Mar.  11,  1915,  describes  the  use  of  a  small  gasoline  tractor 
for  bi-eaking  soft  muck  land' oli  a '  Southern  reelamationi  project. 
This  machine  was  driven  by  a  20-hp.  4-eylinder  motor,  and  was 
equipped  with  three  small  "caterpillar"  wheels  which  gave  a 
bearing  surface  of  2,800 .  sq.  in.  ior  a  total  weight  of  4  tons. 
The  price  of  the  machine  was  $2,500.  The  cost  of  bi'eaking  soft 
muck  land  was  about  as  follows :  Operator's  wages  for'  a  10-hr. 
'day,  $3;  gasoline,  $2;  lubrication,  $0.40.  This  .gives  a  total,  op- 
erating cost  of  $5.40  for  plowing  five  acres,  or  $1.08  per  acre.  ; . 

Traction  Plowing  Outfits.  Bulletin.  170,,  U.  S.  Department  qf 
Apiculture,  gives  a  largei  amount  ;of  data  on;  plowing  ivithtrg.?- 
tion  outfits,  as  well  as  on  'the  cost  ofi  operating  steam  and  gas- 
oline tractors  under  average  farjn  conditions.  Plowing  costs  are 
given  as  follows: 
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COST  OF  STEAM  PLOWING 
(Including  Harrowing) 
'  OoBt  per  acre 

dalif ornia     .-. •  • ,  $0-853 

Southwest     ..,....., ,..........,.• ■      !•!* 

Northwest      ........  J '..'.......' 1,73 

Canada 1.898 

The  cost  of  plowing,  including  some  harrowing,  with  gasoline 
engines  is  given  as  $1,409  per  acre.  The  depth  of  plowing  is  not 
stated  but  it  is  safe  to  assupie  it  as  fully  6  in.  An  acre  6  in. 
deep  contains  approximately  800  cu.  yd.  Thus  if  farm  condi- 
tions can  be  approximated  on  an  excavation  job,  it  will  be  pos- 
sibliB  to  loosen  earth  with  traction-drawn  plows  at  a  cost  of  from 
0.1  to  0.3- ct.  per  cil.  yd.  •  . 

Loosening  with  Explosives.  Some  earthy  materials  are  more 
economically  loosened  by  explosives  than  by  either  picks  or  plows. 
Even  where  the  material  to  be  excavated  is  soft  enough  to  plow, 
"  the  lay "  of  the  land  or  the  method  of  excavating  may-  ma)ce 
plowing  iinpbssible.'  Explosives  are  the  most  economical  means 
of  loosening  for  drag  line  scraper  and  steam  shovel  work.  In 
addition  tq  loosening,  explosives  if  used  in  sufficient  quantities, 
will  throw  the.  earth  considerable  distances;  as  in  making  holes 
for  tree  planting  or  in  digging  pitches. .  ',' 

In  the  "  Engineer  Field  Manual,  Professional  Papers^  No.  29, 
Corps,  of  Engineers,  U.  S.  Army,"  data  are  given  as  to  the 
amount  of  explosive  required  to  make  military  mines,  from 
which  the  following  brief  tables  are  taken.  The  values  given 
are  to  be  regarded  as  approximations  only.  The  maximum  loosen- 
ing effect  is  obtained  from  the  explosions  of  the  powder  when  no 
earth  is  displaced  on  the  surface;  A  sphere  of  earth,  is  ruptured 
about  the  charge  as  a  center.  In  military  parlance  this,  type 
of  mine  is  called  a  "  camouflet.''  Where  the  radius  of  rupture 
is  to  be  equal  to  the  depth  at  which  the  charge  \^  placed,  mul- 
tiply the  cube  of  i  the ,  depth  in  feet  by  the  following  factors  to 
obtain  the  required  number  of  lb.  of  50%  dynamite. 

iLight'    earth    !, '. I.  0.005 

Common'  earth' ' ' '•■. .- 0.006 

Hard   sand    0.007 

H,ardpan ; 0.008 

These  factors  apply  to  only  one  type  of  mine.  According ,  to 
then!  1  lb.  of  dynamite  placed  6  ft.  below  the  surface  in  light 
earth  and  properly  tamped  will  rupture  about  33  cu.  yd.  of 
earth.  The  amount  of  earth  ruptured  varies  directly  as  the 
amount  of  powder  used,  but  only  if  the  conditions  above  set  forth 
are  fulfilled.     Thus  2  lb.  of  dynamite  placed  6  ft.  below  the  sur- 
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face  will  not  rupture  66  cu.  yd.  because  the  surface  will  be 
broken  and  much  of  the  force  of  the  explosion  lost.  Placed  7.5 
ft.  below  the  surface'  the  two  pounds  would  rupture  about  66 
cu.  yd. 

It  is  often  desirable  not  to  loosen  the  subgrade,  in  which  case 
such  blasting  charges  can  only  be  placed  at  half  the  depth,  of 
excavation.  Under  these  conditions  it  may  be  desirable  to  use 
Is^rger  quantities  of  explosives  than ,  above  indicated,  in  spite  of 
the  fact  that  part  of  their  force,  is  expended  in  making  a. crater. 
In.  this  case  the  relief  of  pressure  in  one  side  shortens  all  radii 
of  rupture  which  have  a  component  in  that  direction,  and  the 
volume  of  rupture  is  ellipsoidal.:  For  a  "Common  Mine,"  dia- 
meter approximately  equal  to  twice  the  depth  of  charge,  having 
its  greatest  horizontal  radius  of  rupture  equal  to  L7  times  depth 
of  charge  and  vertical  (downward.)  radius  of  -rupture  equal  to 
1.1  times  the  depth  of  charge,  the  following  factors  are  given: 

Light   earth 0;ni2 

Common    earth D.OIS 

Hard   sand    ,. ., 0.042 

Hardpan 0.050 

Figuring  from  the  above  data  a  charge  of  approximately  2% 
lb.  of  50%  dynamite  placed  6  ft.  down  in  light  earth,  will  loosen 
about  48  cu.  yd.  of  material.  Here  an  increase  of  250%  in  dyna- 
mite over  the  requirements  of  the  "  camouflet ",  produces  less 
than  a  50%  increase  in  the  amount  of  dirt  loosened.  While  these 
figures  are  rough  approximations  they  serve  to  show  the  folly 
of  using  excessive  amounts  of  explosives  in  loosening  earth. 

Consult  Gillette's  "Handbook  of  Rock  Excavation,"  for  furth^ 
information  on  blasting.  -' 

Cost  of  Blasting  Hardpan.  (From  Engineering  and  Contract- 
ing, Aug.  19,  1908.)  In  all  about  80  holes  were  drilled,  each  hole 
being  put  down  to  a  depth  of  6%  ft.,  making  520  ft.  of  drilling 
necessary.  These  holes  were  put  down  by  t\y:oimen  with  a  12-ft. 
churn  drill,  taking  about  8  days  to  do  the  work.  This  meant  10 
holes  drilled  per  day,  or  about  65  ft.,  and,  with  wages. at  $1.25 
for  10  hr.,  gave  a  cost  for  drilling  of  about  4  ct.  per  ft.  It  took 
about  two  days'  tim,e  for  these  two  men  to  dry  the  holeS;  (water 
stood  in  the  bottom  of  them)  and  do  all  the  necessary  blasting, 
thus  costing  about  6  ct.  per  hole  for  labor  for  blasting, ;  making 
all  the  labor  of  drilling  and  blasting  4-4  ct.  per  ft.  of  hole. 
„  About  2  lb.  of  40%  dynamite  was  used  to  the  hole,  172  lb. 
being  actually  used  for  all  the  holes.  This  meant  an  average  of 
0.28  lb.  of  dynamite  per  cu.  yd.  of  cemented  gravel.  The  total 
cost  of  blasting  was :  ;  :    i     , 
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Laborers,  20  days,   at  $1.25   .i .....J...    $25.00 

172  lb.  dynamite,   at  11%  ct.   , , ;   19.48 

80  electrical  ei^ploders,   at  4  ct 3.20 

Total     ..'. $47.68        ;   ., 

For  the  600  cu.  yd.  of  cemented  gravel  this  is  a  cost  of  8  ct. 
per  cu.  yd.  for"  blasting,  but  if  we  distribute  this  cost  foi'  the 
1,000  cu.  yd.  of  excavation,  the  cost  becomes  4%  ct.  per.  cu.  yd. 

This  work  was  done  in  making  a  channel  20  ft.  wide  on  top 
and  15  ft:  wide  on  the  bottom,  6  ft.  deep  aiid  250  ft.  long.  The 
top  21^  ft.  was  sandy  clay  while  the  rest  of  the  material  was  a 
hard  cemented  gravel.  ' 

Breaking  Up  Hard  Ground  with  Dynamite  is  described  in  En- 
gineering and  Oontr acting,  Nov.  13,  1912,  as  follows:  Although 
road  contractors  have  commonly  used  dynamite  for  blasting  rocky 
cuts  in  road  work,  the  use  of  high  explosives  for  moving  gravel, 
clay  or  old  road  beds  is  a  recent  innovation.  At  a  demonstration 
given  recently  by  the  Du  Pont  Powder  Co.  to  tlie  Park  Depart- 
ment of  Los  Angeles  to  show  the  value  of  dynamite  blasting  in 
hard  ground,  30  holes  were  bored  to  a  depth  of  6  ft.  (to  grade), 
spaced  4  ft.  apart  and  each  loaded  with  two  cartridges.  As  a  re- 
sult of  the  blast  the  dirt  was  loosened  to  grade,  making  further 
plowing  unnecessaryj  The -ground  was  so  hard  that  they  had 
been  using  six  mules  to  a  plow  and  at  each  plowing  were  loosen- 
ing only  about  8  in.  of  dirt.  Low  grade"  dynamites  are  best  for 
this  work,  as  they  have  thfe  slow,  heaving  effect  that  is  most 
advantageous  in  dirt  work. 

Breaking  High  Banks.  In  excavating  a  high  bank  of  hardpain, 
12  to  15  ft.  high,  an  economical  method  is  to  churn  a  hole  some 
8  to  10  ft.  deep,  and  about  8  to  12  ft.  back  from  the  bank  and  to 
load  this  with  a  small  charge  of  black  powder.-  SuffieieAt  ponwier 
is  used  to  crack  the  bank,  but  not  to  throw  very  much  of  it 'down. 
Thus  the  earth  is  easily  undermined  or  barred  down,  as  thfe  case 
may,  require,  breaking  into  small  pieces  by  reason  of- its  fall. 

Excavating  Holes  with  Explosives.  The  following  is  taken 
from  Engineering  and-^Contraciing,  Apr.  ■  15,  1908.  A  hole  was 
churned  in  the  ground  where  the  tree  was  to  be  planted,  With  a 
churn  drill,  at  an  aiigle  with  the  surface  of  35°  to  40°.  The  hole 
was  made  about  2  ft.  deep,  and  loaded  with  a  half  stick  of  40% 
dynamite  (14  Ih.)  and  shot.  This -blew  out  6f  the  ground  a  hole 
about  3  ft.  in  diameter  and  about  2  ft.  deep,  making  a  hole  the 
shape  of  a  co^ie.  The  soil  left  in  the  bottom  of  the  hole  was  well 
pulverized,  admitting  of  the  tree  being  planted  without  further 
preparation. 

One  man  accustomed  to  handling  explosives,  with  a  helper^ 
blew  out  on  an  average  250  holes  per  day,  working  10  hr.    The 
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dynamiter  prepared  the  charges  and  loaded  the  holes,  tamping 
them  but  little,  while  the  helper  churned  the  hol^s  and  asTsisted  in 
other  work. 

The  cost  of  blowing  250  holes  was: 

i    man    , j  3.5O 

1   man    :... I.50 

500  ft.  fuse  at  45  ct.  ,per  100  ft 2  25 

250  caps  at  75  ct.  per  100   l]87 

63  lb.  of  dynamite  at  15  ct 9.45 

Total $18.57 

This  gives  a  cost  of  7.4  ct.  per  hole.  From  each  hole  about 
4.7  cu.  ft.  of  earth  was  excavated,  being  equal  to  .17  cu.  yd.  At 
the  above  cost  this  makes  43  ct.  per  eu.  yd.  In  such  a  hole  trees 
as  large  as  4 'in.  can  usually  be  planted. 

With  a  'deeper  hole  and  a  larger  charge  of  explosive  larger 
holes  could  no  doubt  be  blown  out.  It  would  also  be  possible  to 
use  either  black  powder  or  Judson  instead  of  dynamite,  and  the 
work  might  be  cheapenedby  the  use  of  either  of  thein. 

See  Gillette's  "  Handbook  !  of  Cost  Data"  for  further  inforina- 
tion  on  hole  digging  and  tree  planting. 

Blasting  a  Pit  for  a  Dredge.  In  order  to  float  a  dipper  dredge 
for  the  purpose  of  digging  a  ditch  at  Madrid  Co.,  Mo.,  according 
to  Engineering  News,  June  24,  1915,  it  was  necessary  to  exca- 
vate a  pit  136x50x6  ft.  in  size.  Eleven  rows  of  holes,  3  ft. 
apart,  were  driven.  The  holes  in  the  center  row  were  loaded  with 
2.5  lb.  of  dynamite  each,  thbse  in  the  next  two  rows  on  each' side 
2  lb.  each,  in  the  next  rows  with  1.5  lb.  each,  in  the  next  with  1 
lb.  each  and  in  the  outside  rows  with  0.5  lb.  each.  The  holes  in 
the  outside  rovvs  were  18  in.  apart,  in  the  next  rows,  2  ft.  apart, 
in  the  next  2.5  ft.  apart,  and  in  the  rows  alongside  the  middle 
row,  15  in.  apart.     A  total  of  950  lb.  of  dynamite  was  used. 

The  blast  resulted  in  a  hole  136x43  ft.  in  area,  7  ft.  deep  at 
the  center,  and  an  average  of  3.5  ft.  deep.  In  all,  747  cu.  yd. 
were  removed  at  an  expenditure  of  about  1.3  lb.  per  cu.  yd. 

Eliminating  a  Uosquito  Breeding  Fool  by  Blasting.  The  fol- 
lowing item  was  extracted  from  the  Year  Book  for  1916  of  the 
Commissioners  of  the  Borough  of  Haddonfield,  N.  J.  (Engineer- 
ing and  Contracting,  Aug.  9,  1916.) 

"  The  residents  of  West  Haddonfield  were  for  years  pestered 
and  tormented  by  mosquitoes  which  it  was  learned,  upon  in- 
vestigation, were  propagated  in  stagnant  pools  between  the  rail- 
road and  Haddon  Ave.  It  was  found  practically  impossible  to 
drain  these  to  the  street  gutters,  hence  another  method  had  to  be 
employed  and  it  was  decided  to  sink. the  water  into  the  ground. 
Unde*  the  supervision  of  L.  Z.  Lawrence  a  heavy -charge  of  dy- 
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namite  was  sunk' and  discharged  about  20  ft.  under  the  surface. 
This  caused  the  pools  to  disappearMn  short  order  and  no  water  has 
accumulated  at  this  point  up  to  the  end  of  the  year." 

Dynamiting  a  Dredgeway.  Paul  R.  Higgihgs,  in  Engineering 
and  Contracting)  Avig.  16,  1916,  is  author  of  the  following: 

A  small  creek  ran  under  a  concrete  bridge  22  ft.  in  width.  It 
was  desired  to  run  dredges  under  the  bridge,  but  the  creek  was 
not  deep  enough,  nor  wide  enough.  I  was  given ,  the  contract  at 
a  price  of  80  ct.  per  cu.  yd.  to  deepen  and  widen  the  creek  for 
60  ft.  on  either  side  of  the  bridge. 

I  began  operations  directly  under  the  bridge.  It  was  imprac- 
ticable to  load  heavy  charges  at  that  point,  so  I  put  down  a  row 
of  bore  holes  2  ft.  back  from  the  bank  of  the  stream,  spacing 
them  2  ft.  apart  and  making  them  2  ft.  deep.  Each  hole  was 
loaded  with  a  half  stick  of  60%  dynamite.  I  worked  in  this 
way  from  both  ends  toward  the  middle.  It  was  necessary  for  me 
to  make  use  of  these  little  shots  a,t  the  2-ft.  distances  all  the  way 
down  these,  lines  in  order  to  get  the  required  excavation. 

This  method  of  blasting  resulted  in  throwing  most  of  the  dirt 
into  the  creek  bed,  which  Was  at  that  time  dry.  Two  hours' 
work  with  team  and  scraper  at  a,  cost  of  50  ct.  per  hr.  were  re- 
quired to  remove  the  dirt. 

After  finishing  under  the  bridge,  the  work  was  much  easier, 
as  I  could  load  more  heavily.  Parallel  rows  of  holes  were  put 
down  on  each  side  of  the  creek  2  ft.  back  from  the  banks,  6  ft. 
deep  and  4  ft.  apart,  each  hole  loaded  with  from  seven  to  nine 
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rig.  18.    Method  of  Enlarging  a  Creek  Bed  by  Dynamite. 
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sticks  of  the  60%  dynamite,  i  An  electric  cap  was  used  in  each 
charge  and  the  charges"  were  fired  electrically.  Fig.  18,  Al,  will 
illustrate  this  operation.  These  side  blasts  threw  most  of  the 
dirt  over  into  the  dry  creek  bottom,  leaving  the  work  in  the  con- 
dition indicated  by  diagram  B,  Fig.  18. 

I  then  put  down  a  single  row  of  holes  directly  down  the  center 
of  the  hump,  also  two  more  parallel  rows  of.  holes  on  either 
Side  of  the  center  line.  These  side  lines  were  each  about  3  ft. 
from  the  center  line.  The  center  line  of  holes  was  about  6  ft. 
deep;  the  side  lines  from  3  to  4  ft.  My  center  line  of  holes  (all 
^he  holes  were  from  2  to  3  ft.  apart)  was  loaded  with  about  41^ 
cartridges  each  of  the  straight  dynamite,  and  the  side  line  of 
holes  with  about  three  cartridges  each. 

This  final  shot  resulted  in  throwing  the  dirt  out  on,  the  banks, 
leaving  a  nice  clear  ditch  nearly  20  ft.  wide  at  the  top  and  about 
12,  ft.  wide  at  the  bottom.  Diagram  C,  Fig.  18  will  illustrate  the 
loading  for  this  last  shot  and  the  approximate  shape  of  the 
ditch  after  the  blast. 

Digging  Ditches  with  Dynamite.  Arthur  E.  Morgan  in  )En- 
gmeering  and  Gontraeting,  Feb.  1,  1911,  is  author  of  the;  fol- 
lowing: , 

In  the  lowlands  of  southeast  Missouri,  a  considerable  amount 
of  excavation  for  drainage  ditches  is  now  being  made  with  dyna- 
mite, a  method  of  construction  discovered  by  accident  in  1909. 
In  blowing  large  stumps  preparatory  to  digging  drainage  djtches, 
it  was  noticed  that  where  several  gtumps  close  together  in  a  line 
were  blown  out,  a  depression  .remained  which  had  approximately 
the  dimensions  of  the  required  ditch.  Acting  on  the  suggestion 
thus  oflFered,  efforts  were  made  to  blow  out  a  channel  by  placing 
a  single  charge  at  a  timcj  with  results  which  were,  not  satis- 
factory. Next  charges  were  placed  in  the  ground  2  ft.  apart  for 
a  distance  of  100  or  200  ft.,  and  an  effort  was  made  to  dis- 
charge them  at  about  the  same  time  by  means  of  fuses,  ^s  the 
explosion  of  all  charges  was  practically  instantaneous,  it  was 
apparent  that  all  but  the  first  had  been  discharged , by  concussion. 

The  experimenters  continued  setting  charges  2  or  3  ft.  apart 
for  distances  up  to  a  quarter  of  a  mile,  and  fpund  in  all  cases 
that  it  was  necessary  to  set  a  rfuse  to  only  one  of  the  charges, 
in  order  for  the  whole  to  be  exploded.  Up  to  the  present  this 
method  is  in  use  only  for  the  construction  of, small  ditches,, 3  or 
4  ft.  deep  and  6  to  12  ft.  wide. 

The  dirt  removed  by  the  dynamite  is  thrown  pnto.  both  sicLes 
for  100  ft.  or  more,,  and  does  not  lie  more  than  6  iij.  or  1  ft. 
deep  along  the  margins  of  the  ditch.  The  charges  arg  set  by 
making  a  hole  of  the  necessary  depth  with  a  bar,  and  then  push- 
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ing  the  dynamite  itito  tlie  hole  with  a  wooden  stick,  tamping  dirt 
on  top.  In  order  to  secure  a  uniform  cross  section  it  js,  found 
necessary  to  place  the  charges  at  equal  distances  apart,  and  at 
such  a  depth  that'  they  will  be  on  the  proposed!  bottom  line  -ftf 
the  ditch,  and  that  the  charges  should  be  approximately,  equal 
in  size.    '  -•'  r.     .  ;• 

The  best  of  the  channels'  constructed  in  this  manner  are  as 
nearly  uniform  in  cross  section  as  they  could  be  mad^  by  using 
tfeaHis  and  scrapers. 

One' of  the  ditches  exaniined}  which  had  been  constructed  about 
3/ year,  wais  6  ft.  wide  on  the  bottom;  12  ft.  wide  on  top,  3%  ft. 
deep,  and  in  good  order;  In  diggifig  it  two  %-lb.  sticks,  of  i  5,0% 
dynamite  were  placed  3  ft.  apart  in  the  ground  and, between  3 
and  4  ft.  deep.  Two  men  will  construct  a  quarter  of  a  mile  of 
ditch  in  a  day. '  ~  , 

At  a  cost  of  15  ct.  per  lb.  for  dynamite,  and  $20  per  mile 
for  placing  the  charges,  the  ditch  in  the  condition  in  which  it 
was  examined,  after  a  year  of  depreciation,  had  cost  about  5  ct. 
per  cu.  yd.  'The  ditch  had  been  constructed  through  the  wo.ods 
without  cutting  down  any  of  the  trees,  and  in  some  instances  the 
fallen  trunks  were  lying  across  the  channel. 

This  method  of  construction  is  coming  into  general  use  in  ex- 
cavating lateiral  ditches  in  tlie  wet  muck  soils  of  southeast  Mis- 
souri.. Its  advantages  lie  in  its  usefulness  for  diggiiig,  (ditches  too 
small  for  a  dredge,  and  through  ground  too  wet  for  economical 
work  by  hand  or  with  teams  and  scrapers.  Whether  larger  chan- 
nels can  be  cbnstructed  by  using  larger  charges  of  dynamite, 
placed  at  greater  depths,  retnains  to  be  seen. 

Saiid^  soils  are  not  handled  as  readily  as  ;claiy,  or  muck,  and 
where  dftclies  have  been  blown  out  in  sand,  the  cost,  per  yd.  has 
been  several  ^;imes  as  great.  Neither  does  the  method  work  well  — 
in  dry  soil.  The  use  of  60%  dynamite  has  in  some  cases  given 
better  results  than  50%.  If  the  success  achieved  by  this  method 
of  excavation  is  repeated  in  other  parts 'of  the  country,  it  will- 
appear  that  we  have  added  to  our  construction  methods  another 
means  of  earthexcavation,  applicable  to  wet  muck  and  clay  soils, 
under  conditions  where  none  of  our  former  methods  of,  excava- 
tion ■tvere  economical  for'  the  construction  of  small  channglsji,,, 

Ditching  and  Digging  Pole  Holes  wiU  D,ynamite.  From  an 
article  by  Thomas  M.  Knight  in  EnqineeHng  and  Contractmg, 
July  19,  1916.  ' ,■ 

There  are  hundreds  of  thousands  of  miles  of  ditches  nepded 
in  thii  country.  Excess  water  must  be  carried  away,!,  and  in 
the'  arid  regions  water  must  be  brought  to  the  land.  Ditches 
b'6th  'snlall  and  large,  deep  and  shallow,   to  fill  the  particular 
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needs '  are  required..  How  to  dig  these  ditches  at  thei, , least 
cost  in  the  quickest  time  possible  is  a  question,  of  i  vital  interest 
to  the  engineer,  ..  :  .    .  f.  !  ;     -,      / '. 

■  In  times  past,  pick  and  shovel,  mechanical  diggejrs,  heavj 
ditchilig-  machinery  and  floating-  dredges  all  played  their,  part  in 
the  excavation  of  ditches.  In  recent  ^  years .  dynamite  has  beep 
a'dded  to  this  list.  All  of  these  methods  have  their  plape;  yet 
for  a  great  many,  classes  of  ditches  the  use  of  dynamite,  is 
cheapest  and  most  satisfactory.  However,  in  cases  of  di^jches  of 
froin  one  to  ^several  miles  in  length  and  6  ft.  deep  or  over  other 
means  ■than:by  the  use  ofidynamitei  will;probably  be  found  more 
economical,  but  for  ditches  from  3  ft.  wide  to  2  ft.  dfeep  up  to 
16  ft.  wide  and  6  ft.  deep  the  use  of  dynamite  will  be  found  to 
be  a  Very  economical  way  of  digging.  Ditches  may  be  dug  with 
dynamite  in  the  Softest .  swamp  lands  or  through  ,  the,  hai;des,t 
rock,  i  In  fact,  dynamite  will  do  thg  work  in,  any  soiljwitb.tlie 
exception  of  loose,  dry  sand.. 

•  In  jditcHing  with  dynamite  PO;  expensive  .m,achinery  is  required, 
and  the  cost  and  labor  of  transporting  this  machinery  is ,  elim- 
inated. Ittie  equipment  required  is  generally  a  ,sled.ge  .and  punch 
bar  or  soil  auger;  and.  ve^y  often  two  men  pan  carry  all  the ,  sup- 
plies that  are  needed  for  a  few  hundred  feet  of  d,i^ch.  -Dynamite 
works '  exceptionally  well  in  rough  and  swampy,  lands,  an4  will 
dig  a  1  clean-cut  channel  through  places  so  iWil^^thai  teams  or 
machinery  . could  not.  be  brought  to  , w.ork  ip  ithfipi,.  .A  little 
shoveling  is  sometimes  required,  and,  as  ,the,,^lasji.  scatters  the 
soil  over  an  area  approximately  ,150  ft.  on,  each  side  of  the 
ditch,  there  are  no  spoil  banks  .|vith,  ,whiqh  to,  contend  in  af^er- 
times.  It  is  as  easy  to  dig  a  curyed  ditch  as  a  straight  one,  as 
the  centej"  of  the  ,ditch.  is.iwhere  the  dynamj^te   cartridges,  are 

pl*''«'l-'.      '  •'  ■  •■■■'■'  ■  ■<     'US'«        I,'.  ,,,,. '.'., ':,',;,, ,.., 

In  wet  weather  it  is.pften  impejatiye  that, a  d,itch  he  dug  , very 
qiiiekly  to  avert  the  flooding  of  certain  |iectipii3,,an^  the  use  ,of 
dynamite  in  cases  like  this, is  the  means  of  saving  an  untold 
number  .of. ^ddllars;,    •  ,,,     ....,,,„.    .:;;,/-  i.,jiri     .  :    i,!, 

There  are  two  methods  of  blasting  ditches,  propagated,  and 
electric.  The  propagated  method,, can  be  parjied  on  pnly  in  wet 
soils;  while  the  electric  one  may.;be;jpraeticed  in  both  wet  and 
dry  soils,  The  grades  of  explosives  u^ed,  blasting,  s,upplies  needed, 
and  methods  of  loading  vary,  with  the  two  inethpds. 

In  wet  or  swampyi  soils;  tjiie  ditching  can  best  be  done  by 
the  propagated  method.  In  firing  a  propagated  f)la,st  the, ,  car- 
■tridiges  aire  placed  from  ,18  to  24  in,  apart  and,  at  thp>  proper  de- 
termined depth.  A  blasting  cap  with  fuse  is  inserted  in  tw 
center  cartridge  and  fij^pd- :  The  force  ,pf,  the  e-x.plosion  ^  o,f ,  this 
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cartridge  flres  or  detonates  the  balance  of  the  cartridges  so 
placed.  If  the  ditch  is  to  be  a  wide  one,  then  a  parallel  row 
of  cartridges,  and  sometimes  a  third  row,  is  required.-  In^  such 
a  case  there  should  be  an  extra  cartridge  or  two  put  down  to  con- 
nect the  parallel  rows  to  make  sure  of  the  simultaneous  detona- 
tion of  all  the  charges.  It  is  also  good  pi'aetice  to  charge  the  two 
cartridges  on  each  side  of  the  primer  with  a  blasting  cap,  to 
further  insure  perfect  detonation:  In  a  propagated  blast  a 
straight  nitroglycerine  dynamite  must  be  used,  as  other  grades 
are 'too  insensitive  to  be  fired  in  this  manner.  This  method  of 
blasting  should  be  carried  on  only  in  a  fairly  warm  soil.  It 
should  not  be  attempted  in  icy  water  or  in  cold  weather. 

If  stimips,  boulders;  or  other  obstructions  are  directly  in  the 
line  of  the  ditch  it  is  best  to  prime  a  cartridge  on  each. side 
of  the  obstruction  and  fire  these  with  ah  electric  blasting  ma- 
chine. The  explosive  wave  might  carry  through  or  around  these, 
but  it  does  not  pay  to  take  the  risk.  When  such  obstructions 
are  to  be  removed  from,  the  ditch,  extra  charges  should'  be  placed 
under  them. 

The  electric  method  of  blasting  ditches  may  be  carried  on  re- 
gardless of  soil  conditioiis  and  temperature.  It  has  the  advan- 
tage over  the  propagalied  niethod  in  that'  the  low  freeziiig-  and 
less  sensitive  grades  of  dynamite  may  be  used  and  larger  chslrges 
ihay  be  employed  in  the  hole,  and  these  placed  correspondingly 
farther  apart,  thus  reducing  the  cost.  The  method  of  procedure 
is  exactly  the  same  as  with  the  propagated  blast,  except  every 
charge  must  be  prtmed  with  an  electric  blasting  cap)  and  the 
wires  connected  up.'  To  fire  this  an  electric  blasting  machine  is 
used.  Where  more  than  one  cartridge's  used  in  a  hole,  the  one 
containing  the  primer  should'  be  placed  on  top  and  the  cap 
pointed  downward.  Blasting  machines  have  limited  capacities; 
so  don't  overload  them.  If  one  is  rated  at  fifty,  it  is  far  better 
to  fire  forty-five  charges  than  to  try  to  fire  fifty^fiveJ  Be  on  the 
safe  side.  Where  the  water  does  not  rise  2  ft.  in  the  hole,  it 
should  be  filled  with  suitable  tamping  material  and  packed 
tightly.         .• 

If  one  set  of  holes  is  to  be  fired  they  can  best  be  connected  as 
showii  in' Fig.  19.  Fig.  20  also  shows  a  method  of  connecting 
one  line  of'  holes.  For  two  sets  of  holes  the  connections  are 
made  as  in  Fig.  21.  If  a  ditch  is  of  a  sufficient  width  to  de- 
mand three  lines  of  holes,  the  inethod  of  ■  connecting  the  wires 
is  shown  in  Fig.  22.  Fig.  23  gives  a  view  of  the  longitudinal 
section'  of  the  placing  of '  charges  and  wiring  for  an  electric  ditch 
blast. 

The  amount  of  dynamite  needed,  the  space  between  the  charges, 
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Fig.  19.    Plan  of.  Wire  Connections  for  Blasting  a  Narrow  Ditch 
Through  Dry  Ground. 


Fig.  20.    A  Second  Method  of  Wiring  One  Line  of  Holes. 


Fig.  21.    Plan  Showing  Method  of  Connecting  Wires  for  Blasting 
a  Large  Ditch  Through  Dry  Ground. 


Fig.  22.    Method  of  Connecting  Wires  for  a  Ditcjbi  Blast  Where 
Three  Lines  of  Holes  are  U^e^. 
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Fig.  23.    Longitudinal  Section  Showing  Method  of  Loading  With. 
Electric  Blasting  Caps  for  Blasting  a  Ditch. 
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and  the  depth  to_whjch  they  are -placed  to  dig  a  ditch  of  the 
required  size  vary  greatly.  No  set  rule  can  be  lai^  down. 
Roughly  speaking,  in  average,  soils-  a  pound  of  50%  straight 
nitroglycerine  dynainite  should  dig  a  running  yard  of  ditch  6  ft. 
wide  and  from  2%  to  3  ft.,  deep. ,  That  would  mean  'the  placing 
of  a  cartridge  of  dynamite  every  18  in.  at  a  depth  of  about 
30  in. 

The  only- sure  way  to  proceed  either  in  a  propagated  or  electric 
blast  is  trst  to  fire  .trial  or  test  shots."  For  ditch^  from  3  to 
3%  ft.  deep  the  depth  of  the  bore  or  loading  holes  should  be  from 
2  to  2%  ft.  and  the  spacings  fo™  20  to  24  in.  apart.  It  is  well 
to  load  about  ten  holes  as  a  trial  and  note  the  results.  -^  If  a 
clean  ditch  has  been  blown  to  the  required  width  and  depth,  the 
work  may  proceed,  but  if  too  deep  or  too  shallow,  vary  the  spac- 
ing, depth,  and  charges-accordingly.  Two*  or  three  test  shots  in 
most  cases  will  determine  the  correct  loading.  In  some  cases 
where  a  shallow  ditch  is  required  and  the  soil  is  soft  and  wet, 
half  a  cartridge  will  be  gufficieiit  to  do  the  work.  When  the  dyna- 
mite moves  too  much  ground  in  propagated  blasts  and  the  spacing 
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Fig.  24.    Dynamite  Charges  Tied  to  a  Stick-  and  Ready  to  Load 
for  a  Post  Hole  Blast. 

between  thg  charges  is  24  in.,  ciit  downv  the  sife^  of  the  charge 
rather  than  increase  the  spacings,  as  24  in.  is  usually  the  limit 
of  successful  propagated  blasts.  . 

The  holes  can  be  put  down,  in  swampy  and  wet  land  with  a 
wooden  stick  or  bar'  with  little  trouble^  while  in  harder  soils  a* 
hole  may  be  pWdown  with  a  bar  and  Sledge  or  crowbar'.!     -i 

Soil  conditions  vary  in  every  location;  so  it  is  impossible  to 
arrive  at  any  cost  prices  until  test  shots  have  been  made.  Table  . 
I  gives  the  approximate  amount  of  50%  straight  nitroglycerine 
dynamite/  reiuired  to  dig  ditches  of  various  width.  Table  II 
shows  the  amount  of  dynamite  required  for  a  given  length  of 
ditch.    -^  ■"■ 

Dynamite  is  also  employed  to  good  advantage  in  digging  post 
and  pole  holes.  ■; 

In  digging  pole  hdles  with  dynamite  the  dirt  is  packed  solidly 
around  the  sides  of  the  hole,  which  is  gieatlyto  be  desired.  The 
tendency  in  hand  digging  in  hard  soils  or  shale  is  to  make  the 
holes  sliallow.  This  danjger  is  wholly  eliminated  wHere' explosives 
are  emplojcd. ,  ■  ^  !  - 

In  preparing  to  blkst  out  a  hole  with  dynamite,  a  hole  is  first 
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dug  with  a  spade  about  6  or  8  in.  deep  to  the  full  diameter  of 
the  hole  required.  This  is  to  relieve  the  pressure  on  the  blasted 
hole  and  to  prevent  excessive  shattering. 

A  bore  hole  is  then  put  down  in  the!  center  of  the  shallow 
hole  to  within  about  6^  in.  of  the  depth  required.  .  A  soil  auger 
or  churn  drill  will  probably  work  the  best  in  putting  down  this 
hole.  ■^"'* 

The  'dynamite  used  in  blowing  i  out  the  hole  must  be  divided 
into  several  charges  and  spaeeiii  so  that  virhen  -  placed  in  the 
hole  the. top  charge  will  be  about  20  in.  below  the  surface.  The 
charges,  consisting  of  ^a  cartridge  or  fraction^  of  one,  piay  be  tied 
to  a  lath  or  any  other  light  stick  (see  Fig.  2f4)  at  distances  from 
6  to  24  in.  apart.  The  spacings  and  charges  are  determined  by 
the  character  of  the  spil  and  depth  and  diameter  of  the  hole 
required.  Here,  again,  test  shots  must  be  made  to  determine  the 
most  satisfactory  and  economical  method  of  procedure. 

TABLE    I.— APPROXIMATE    TABTjE    OP    CHARGES    OP    STRAIGHT 

50%   DYNAMITE    POR   BLASTING  DITCH   WITHOUT  A 

BLASTING  MACHINE 

Approximate    -  Distance 

Top                 number  of  cartridges  per  hole               Nniaber  of  between 

width  of       required  for  ditches  of  various  depths  parallel  rows  rows  in 

ditch      2%  to  3  ft.          4  ft.              5  ft.  6  ft.        required  inches 
6                   12                   3                   5                   1 

8                   1                   2                   S    ,               5                lor  2  30 

10                   1                   2                   3  -               5                   2  36 

12                   1                  '2                   3                   6                 ,2  42 

14                    1                    2                    3                    5                    2  48, 

16                   1                   2                   3                   5  ,     ,      .^3  36 

18                   1                   2                   3                   5           \     -i  42 


TABLE  II 


, 10  rods 

w  Dynamite 

-3  required 

^  using^ 

a  a,         charges 

£  .2      per, hole  of 


».s., .,  .^ 


18  HO 

20  99 

24  83 

26  76 

.'28  71 

•'       1  Tod-W/i  ft. 

10  lods  —  165  ft.  or  5?  yd.  i 

V4,  mile  —  1,320  ft,  or  440  yd.  or  80  rods. 

%  mile  — 2.640  ft,  or  880  yd.  or  160  rods. 
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The  top  cartridge  or  piece  of  cartridge  Is  primed  with  a  fuse 
and  blasting  cap  or  an  electric  blasting  cap.  <  Nothing  smaller 
than  a  No.  6  should  be  used,  so  as  to  insure  perfect  detonation.) 
The  lath  with  the  primer  on  top  and  charges  attached  is  then 
placed  in  the  hole  (see  Fig.  25).     If  water  is  in  the  hole  of  suffi- 


Fig.   25.    Method   of  Loading  for  Pole  Hole  Blasting. 


cient  depth  to  cover  the  charges,  including  the  primer,  no  tamping 
is  necessary.  If,  on  the  otlier  hand,  the  hole  is  dry,  better  re- 
sults may  be  secured  if  the  hole  is  tamped  at  the  top  about  the 
charge.  In  tamping  the  hole,  care  should  be  taken  to  see  that 
no  dirt   or  pieces  of   sod  get  between   the  primer   and  charges 
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below.  In  firing,  the  force  of  the  explosion  of  the  primer  explodes 
the  other  charges,  but  if  dirt  or  sod  intervenes  the  charges  below 
will  fail  to  explode.  Water  transmits  the  detonation,  but  dry- 
dirt  retards  or  cuts  it  off  entirely. 

In  a  test  shot  following  the  described  method  in  a  tight  clay 
soil,  an  excellent,  clean-cut,  open  hole  was  blown  out  4.5  ft.  deep. 
One-third  of  a  cartridge  of  straight  60%  dynamite  was  placed  in 
the  bottom  of  the  hole;  one-third  of  a  cartridge  of  the  same 
strength  eight  inches  from  the  bottom,  and  one-half  cartridge 
of  40%  low  freezing  extra  dynamite  was  placed  20  in.  below  the 
top.  There  was  no  tamping  in  this  case.  Very  little  hand  work- 
was  required  to  clean  the  hole  out. 

Another  test  shot  was  recently  made  in  a  wet  blue  clay  soil. 
A  bore  hole  was  put  down  6  ft.  deep.  Seven  charges,  each  con-, 
taining  one-third  of  a  cartridge  of  50%  straight  nitroglycerine 
dynamite,  were  placed  6  in.  apart,  beginning  at  the  bottom.  This 
blew  out  a  uniform,  clean-cut  hole,  78  in.  deep,  which  required  less 
than  three  minutes  of  hand  work  to  clean  out.  The  walls  were 
compact  and  hard.     The  shot  was  satisfactory  in  every  way. 

In  pole  hole  blasting  the  straight  dynamites  give  good  results 
in  warm  weather,  while  the  extras  and  low  freezing  grades  give 
satisfactory  results  both  in  warm  and  cold  vfeather.  The  straight 
dynamites  are  more  sensitive  and  quicker  in  their  action  tha,n  ;the 
others. 

Undercutting  frozen  Ground.  One  of  the  simplest  methods  of 
excavating  frozen  ground  where,  the  depth  of  freezing  is  not  too 
great,  is  to  undercut  it  and  to  break  the  unsupported  crust  with, 
heavy  sledges. 

Uethods  of  Digging  Pole  Holes  in  Frozen  Ground.  The  fol- 
lowing is  from  Engineering  and  .Contracting,  Dec.  3,  1913, 

In  northern  Minnesota,  where  the  eiirth  freezes  to  a  depth  o^- 
f rom  4  ft.  to  5  ft.  in  winter  ,and  where  consequently  the  cost  of 
digging  holes  is  high,  the  following  expedient  is  used  to  keep 
down  costs.  When  the  top  of  the  hole  has  been  picked  out  to  a 
depth  of  6  in.  or  more,  a  tin  cup  full  o^  gasoline  or  coal  oil 
is  1  poured  into  the  hole  and  lighted.  The  dicing  is  then  con- 
tinued, the  burning  oil  thawing  the  earth,  and  from  time  to  time 
more  oil  is  added.  It  is  said  that  with  the  help  of  about  a 
gallon  of  oil  per  hole,  the  cost  of  digging  can  be  reduced  approx,- 
ima-tely  15%.  X 

Steam  jets  have  been  successfully  used.  For  example,  in  En- 
gineering News  for  April  13,  1899,  a  description  was  given  of  a 
method  used  for  thawing  frozen  ground  in  order  to  dig  holes  i  for 
electric  light  poles,  from  which  the  following  ii^formation  is  fib- 
straoted. 
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A  vertical  'jeli  pipe' was  connected  by  a  tee  to  a  horizontal  rpipe 
24  in.  long,  capped  at  one  'end  and  connected  at  the  other  by 
nipples  and  four  elbows  with  a  pipe  leading'  to  the  boiler  of  a 
traction  engine.  The  nipples  and  elbows  were  provided  to  allow, 
the  necesa'ary  play  for  handling  the  appliance.  To  protect  the 
workman  from  the  stfeam  and  to  enable  them  to  manipulate  the 
jet  pipe,  two  wooden  handles  2x4  in.  in  section  and  10;  ft.  long 
were  connected  by  stirrups  to  the  two  ends  of  the  short  horizontal 
pipe-  

This  jet  pipe  was  forced  down  by  two  men  pressing  on  the 
h&Hdies;  as  the  earth  thawed  out,  the  steam  carried  the  paa-tiqles 
out  alongside  the  pipe;  and  as  the  depth  increased  more  steam 
would  be  condensed  in  the  borehole  until  finally  no  steam  escaped 
and  the  outflow  was  liquid  mud.  This  ^outfit,  which  was  invented 
by  Mr.  James  W.  Pearl,  of  Decatur,  Mieh.,  would  thaw  out  about 
30' holes  for  electric  light  poles  ill  a  day  of  ten  hqurs. 
'  'Thkwing  Ground  with  Steam  Pipes.  An  article  by  Mr.  A.  Len- 
dtsrink,  in  Engineering  News,  Feb.  18,  1915,  gives  the  following: 

An  interesting- methbd  of  thawing  ground  for  treinching  was 
employed  during  the  winter  of  1914  and  1915  at  <  Kalamazoo, 
Michigan.  The  ground  in  the  streets  was  frozen  18  -to >  24  in. 
deep  and  this  was  thawed  by  the  following  method:  A  10-hp. 
upright  boiler  and  -engine  ( mounted  on  a  truck  so  that  it  could 
be  easily  moved  about)  furnished  steam  to  a  1-in.  steam- line, 
laid  along  one  of  the  outer  edges  of  the  proposed  trench  for  a 
distance  of  100  to  150  ft.  from  the  boiler  and  returned  along  the 
other  edge;  This  part 'of  the  trench,  including  the  pipe,  was  then 
covered  with  some  wooden  sewer  forms  that  the  City  had  used  for 
large  concrete  sewer  construction,  aiid  the  forms  were  covered 
with  6  to  8  in.  of  sand.  The  pipes  were  kept  off  the'  ground  by 
laying  them  on  a  few  bricks.     ■  ,  ■  i:   n 

It  was  found  that  by  keeping  steam  on  the  pipe  for  24  hr.  the 
frost  in  the  part  under  cover  was  entirely '  removed;  The  mois- 
ture in  the  thawed  ground  allowed  the  men  t6  shovel  the  top  dirt 
out  of  the  trench  without  using  a  pick  to  loosen  it.  The  pipes 
and  fortns  were  moved  ahead  each  morning  and  the  thawing 
started  for  the  next  day's  work;  ■ 

The  cost  of  thawing,  for  a  trench  3  ft.  wide,  was  8  to  10  ct. 
per  iin.  ft.,  exclusive  of  interest  and  depreciation  on  the  boiler. 

A  Device  for  Thawing  Holes,  made  by  Hauck  of  Brooklyn, 
consists  of  an  oil  "burning^  blow  pipe  which  is  used  inside  of  an 
18-iil.  length  of  stove  pipe.  The  ground  is  warMed  and  dug  out 
with  bar  and  sCoop  to  the  full  depth  but  to  a  diameter  of  from 
8  in.  to  12  in.  only.  The  hole  is  then  filled  with  the  warmed 
earth,  covered  and  allowed  to   stand  over   night.     The  warmed 
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earth 'thaws   the   adjacent ;  frozen  .earth  : so   that   the  hole   may 
be  excavated  to  the  full-diameter. 

Lime  for  Thawing  Frozen  Ground.  The  following  is  from; 
Engineermg  Ueoord,  March  22,  1913.  In  connection  with  the 
sewer  construction  at  West  Liberty,  Iowa,  described  in  the  En- 
gmeering  Record  of  Mar.  15,  1913,  a  novel  method  of  fighting 
frozen  ground  was  used  with  considerable  success.  ,  During  the 
winter  ofl  1911  and  1912  the  ground  was  ficozen  to  a  depth, of 
about  4  ft.,  and  in  this  state  resisted  all  efforts  of  the .  trenching 
machine  to  break  it.  Finally  lime  was  placed,  covering  the.  width 
of  trench'  to  be  opened,  and  was  ,broken  up  into  small  pieces  and! 
covered  with  straw,  hay  or  manure.  Water  was  poured  , upon  it 
so  as  to  slake  the  lime  thoroughly.  :  The  covering  retained  the 
heat,  iwhich  with  the  hot  water ,  penetrated  the  frozen  ground 
sufficiently  to  enable  the  trenching  machine  tP:  make,  Jiea,dway., 
On  another  job  a  covering  of  old  boards  with  a  steam  jet  .was 
found  to  hurry  matters  up.  This  method  of  thawing, ground  is 
now  being  used  successfully  by  Thqs.  Carey  &  Son,  in  Clinton, 
Iowa,  where  they  have  been  vigorously  prosecuting  sewer  work 
all  winter.  ,  i         ,  i  i  ■ 

Thawing  Frozen  Gravel.  In  "  Methods  and  Costs  of  Gravel  and 
,Placer  Mining  in  Alaska,"  by  C.  W-  Purington  (U.  S.  Geol,,  S^r-, 
vey  Bui.  No.  263,  1905),  various: methods  of  thawing  gravel  for 
mining  purposes  were  described  substantially  as  follows: 
-  According  to  experience  in  one  idistrict  the  efficiency  of  a  good 
fli-e  in  creek  ground  was  as  follows :  ,  A  fire  taking  three-fifths 
of  a  cord  of  wood  (at  $12  a  cord)  is  built  againgtthe  face,  o|  the 
bank.  The  pile  of  wood  is  18  in.  wide,  2  ft.  high  and  25  ft.-,  long. 
Stones  are  laid  up  over  the  pile  and  a  space  is  left  to ,  light  the 
fire.  The  fire  is  lighted  at  5  p.  m.  ^nd;  left  to  burn  ijnti},  8,  a.  m. 
the  next  day.  The  stones,  which  quickly  get  hot,  are  regarded 
as  most  efficient  in  thawing.  On  a  4-ft.  thickness  of  pay  gravel 
this  amount  of  fire  will  thaw  in  the  time  specifipd  from  5  to  6 
cu.  yd.  This  is  at  the  rate  of  9.2  cu.  yd.  thawed  per  cord  of 
wood,  which  is  considerably  less  efficient  than  the  method  of 
thawing  with  steam.  Time,  delays  and  awkwardness  jof,  thje 
method,  moreover,  make  wood  fire  thawing  the  most  ejppen^ive 
that  can  be  adopted.  The  figures  per  ft.  for  shaft  sinking  range 
from  $3.16  to  $7.50.  in  taking  gravel  from  prospect  shafts.   ,, 

The  direct  application  of  jets  of  dry  steam  to  the  gravel  bank 
through  the  agency  of  driven  pipes  has  been  found  to  be  the 
most  efficient  method  in  general  practice  for  thawing  frozen 
gravel.  /The  amount  of  moisture  contained  in  steam  can  be 
judged  by  the  color  of  a  jet  of  steam  issuing  from  a  small  ^rass 
peteock.     If  it  is  transparent  or  whitish  near  the  orific^  it  conr 
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tains  less  than  2%  of  moisture.  If  pure  white  the  moisture  is 
above  2%.  A  %-in.  steam  hose  is  run  from  the  boiler  to  the 
baiik,  where  it  ends  in  a  manifold  to  which  several  %-in.  hose 
lines  can  be  Coupled..  Each  of  these  small  lines  ends  in  a  hollow 
bar  about  5  ft.  long  with  a  tool  steel  point  which  is  driven  into 
the  gravel  and  enables  the  jet  of  steam  to  penetrate  far  into 
the  interior  of  the  frozen  mass. 

In  creek  claims  exceeding  15  ft.  in  depth,  where  solidly  frozen 
ground  occurs,  the  method  of  drifting  with  the  use  of  the  steam 
point  is  as  follows. 

'  A  20-hpi  boiler,  capable  of  running  10  steam  points,  is  put  on 
the  ground,  and  frequently  one  or  two  extra  long  points  are  pro- 
vided for  sinking  holes.  These  long  points,  from  10  to  12  ft.  in 
length,  are  not  so  strongly  made  as  the  5-f t.  points  used  in  the 
drifting  operations.  In  some  cases  pieces  of  %-m-  hydraulic  pipe 
are«  used.  The  point  is  set  up  on  the  ground  and  steam  or  hot 
water  is  turned  on.  The  time  for  sinking  a  hole  by  this  method 
to  bedrock  is  from  24  to  48  hr.  If  large  flat  stones  are  en- 
coUhtered  in  the  gravel  it  is  sometimes  advisable  to  use  strong, 
specially  made  points  to  prevent  breaking.  The  average  radius 
of  a  vertical  shaft  thus  thawed  by  a  single  point  is  2  ft.  and  the 
hole  when  cleaned  out  has  a  cylindrical  or  tube  shape.  ■ 

Oh  some  of  the  work  the  5-ft.  points  are  Used  in  batteries  of 
four  points  each.  A  mallet  is  used  to  drive  the  points  into  the 
bank,  where  they  are  left  from  10  to  14  hr.  Each  point  thaws  a 
block  of  gravel  averaging  6  ft.  into  the  bank,  18  in,  on  each  side 
of  the  bank  and  4  ft.  high.  The  use  of  hot  water  turned  into  the 
hose  for  starting  the  points  is  considered  good  practice.  The 
points  must  be  driven  carefully  and  slowly,  and  for  ten  points 
distributed  along  a  face  the  average  time  needed  is  from  one  to 
three  hours.  The  amount  of  steain  required  for  each  point  has 
been  found  to  vary  in  amount  from  1  to  2  boiler  hp.  The 
amount  of  gravel  which  a  point  will  thaw  appears  to  vary  with 
the  length  of  the  point,  and  this  is  regulated  somewhat  by 
the  character  of  the  gravel.  The  5-ft.  point  has  been  found  to 
be  the  most  economical. 

A  typical  case  illustrating  the  efficiency  of  the  points  is  the 
following:  Points  of  Dawson  manufacture,  5  ft.  long,  costing 
$15  laid  down,  were  used  in  manifolds  of  four.  They  were  put 
in  at  distances  of  from  2  ft.  6  in.,  to  3  ft.  apart,  and  were  started 
with  hot  water.  It  took  three  hours  to  drive  them  in.  A  12-hp. 
boiler  supplied  the  steam  for  ten  points,  three-fourths  of  a  cord  of 
wood  being  burned  while  the  thawing  was  done.  In  twelve 
hours  the  ten  points  thawed  a  block  of  gravel  30  ft.  in  length  by 
5  ft.  high,  6  ft.  into  the  bank  or  a  total  of  33.3  cu.  yds.    Tliis  ia 
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at  the  rate  of  3.3  cu.  yds.  per  point  and  44.4  cii.  yds.  per  cord 
of  wood.  , 

Steam  Jets  Thawing  Ahead  of  Steam  Shovel.  (H.  P.  J.  Earn- 
shaw,  in  Engineering  News-Record,  Sept.  13,  1917.)  Thirty-four 
inches  of  frozen  clay,  so  hard  that  stones  embedded  in  it  could 
be  cut  off  without  loosening  them  at  all,  which  was  encountered 
on  a  recent  excavating  contract,  was  readily  thawed  by  the  fol- 
lowing method.  / 

It  was  impossible  to  lift  or  break  this  frozen  crust,  and  ordi- 
nary means  of  thawing,  such  as  steam  pipes  under  canvas  cover, 
and  live  steam  under  canvas  cover,  proved  such  a  failure  that 
only  4  or  5  in.  were  thawed  out  in  36  hours.  The  plan  used 
was  to  jet  holes  with  an  open-end  %-in.  pipe  connected  to  the 
boiler  by  a  ^-in.  hose,  the  si,team  pressure  quickly  melting  a 
hole  in  the  frozen  clay  and  forcing  pebbles  and  small  stones  out 
of  the  way.  As  fast  as  these  holes  were  made  a  %-in.  capped 
pipe  with  four  ^^-in.  holes  bored  in  it  was  put  in  each  and  left 
running  to  thaw  out  the  ground.  These  pipes  were  connected  in 
series  by  short  lengths  of  hose  to  steam  lines  run  from  the 
boiler.  Twelve  of  these  were  put  in  at  a  time,  connected  to  one 
line.  These  were  moved  back  as  the  shovel  worked  toward  them, 
requiring  only  15  "minutes  to  thaw  out  a  section  of  the  bank  so 
thoroughly  that  the  revolving  shoVel  could  dig  It  as  well  as  if  it 
had  never  been  frozen.  ^' 

Thawing  by  Direct  Application,  of  Hot  Water  is  described  in 
Engineering  and  Contracting,  Aug.  14,  1907,  as  follows:  At  a 
claim  on  Gold  Run,  in  the  Klondike,  where  it  was  desired  to  ex- 
tract a  3-ft.  pay  streak  of  gravel  capped  by  27  ft.  of  barren  gravel 
at  a  depth  of  50  ft.  below  the  surface,^  a  small  force  pump  of  the 
ram  pattern,  with  out-side  packed  valves,  was  placed  in  the  main 
runway  near  the  shaft.  It  drew  water  from  a  6-ft.  sump  near 
at  hand,  to  which  the  workings  drained.  The  pump  had  4rin. 
intake,  3-in.  discharge  choked  to  2\^  in,,  and ,  the  w^ter  was 
pumped  to  the  face  by  means  of  cotton  hose  and  discharged 
through  a  1-in.  brass  nozzle  at  40-lb.  pressure.  Six  thousajud 
gallons  of  water  were  Ksed  over  and  over,  and  by  discharging 
the  exhaust  from  the  pump  into  the  suction  the  water  was  kept 
at  a  temperature  of  150°  F.  In  a  shift  of  ten  hours  the  pvunp, 
using  30  hp.,  thawed  and  broke  down  ready  for  the  shovelers 
•  175  cu.  yd.  of  graveL 

Hot  Water  Thawing.  It  is  stated  by  Mr.  Henry  Mace  Payne 
in  a  paper  read  before  the  Canadian  Mining  Institute,  and  ab- 
stracted in  Engineering  and  Contracting,  April  17,  1918,  that  ex- 
perience in  the  Yukon  District  shows  that  with  hot  water  four 
times  the  amount  of  gravel  can  be  thawed  in  two-thirds  the  time 
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with  less  than  half  the  fuel  necessary  when  steam  is  the  medium 
used.  An  average  of  46%  of  the  frozen  material  in  place  is  ice. 
When  this  Is  melted,  the  boulders  are  loosened;  so  that  a  thawing 
process  started  at  bed-rock  creates  a  subterranean  cavern,  which, 
as  the  thawing  continues,  causes  a,  gradual  caving  to  the  surface 
and  a  shrinkage  in  volume  of  the  entire  mass. 

To  drive  the  thawing,  points  to  bedrock  a  hollow-steel  rock- 
drill  cross-type  bit  was  welded  to  the  end  of  a  %-in.  steam  point 
and  a  %2-iu  hole  was  drilled  at  the  top  of  each  of, the  four  flutes 
to  the  bit.  Thus,  instead  of  one  %6"i"-  ^ole  at  tjtie  end,  as  in  the 
old  point,  there  are  five  holes,  four  in  the  sides  and  one  in  the 
end,  and  as  a  result  it  is  possible  to  drive  the  point  directly 
through' a  boulder.  ;.  -• 

A  frozen  boulder  when  partly  drilled  through  expands  from 
contact  with  the  hot  water  and  splits,  allowing  the  point  to  drop 


Anvil  Attachment  for  Thawing  Pointp. 


below  to  the  next  botilder.  Meanwhile  the  hot  water  has  a 
sluicing  effect  from  the  four  side  holes,  not  obtainable  with  the 
one  orifice  only,  and  thawing  proceeds  with  consequent  greater 
rapidity. 

A  further  advantage  of  hot-water  thawing  is  the  elimination 
of  the  possibility  of  back  pressure  or  suction  through  the  thaw- 
ing point,  with  conseqiient  choking'  by  mud,  etc.,  due  to  steam  con- 
densation in  the  lines,  or  pressure  drop  in  the  boiler.  ' 

To  facilitate  driving  of  the  thawing  points  and  to  eliminate  the 
use  of  ladders  and  chances  for  breaking  points,  anvils  weighing 
about  100  lb.  may  be  forged  from  old  dredgeJ-bucket  pins,  slotted 
so  as  to  pass  over  the  thawing  point,  and  held  in  place  by  a  key. 
(See  Fig.  20.)  Handles  may  be  inserted  on  each  side  of  the 
anvil  and  the  helper  can  turn  the  poiiit  as  in  regular  rock  drill- 
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ing,  while  the  operator  standing  on  the  ground  alongside  strikes 
with  a  sledge  hammer,  driving  the  point  until  the  anvil  reaches 
the  ground.  The  key  can  then  be  knocked  out,  the  anvil  raised 
to  a  convenient  height,  and.  the  driving  operation  resumed. 

In  thawing,  the  points  are  regularly  spaced  in  triangular  re- 
lation to  each  other  16  ft.  apart  between  any  two  adjacent  points. 
This  establishes  a  fixed  distance  from  the  points  to  the  supply 
line.  Rubber  hose  is  used  only  during  driving,  after  which  a 
standard  pipe  connection  is  pv.t  on.  Between  the  pipe  connec- 
tions and,  the  main  line  ordinary  railroad-train,  hose,  couplings 
may  be  inserted,  obviating  leaky  unions  and  facilitating  con- 
nedting  and  disconnecting  operations.  Two  pairs  of  point  men, 
each  equipped  with  an  anvil,  can  drive  five  drill-bit  points  in 
10  hours,  viz.:  Driving,  6  hr. ;  pulling,  1%;  connecting,  1}^,  and 
miscellaneous,  1  hr. 

Thawing  Frozen  Gravel  by  Hot  Water.  Engineering  and 
Contracting,  Oct,   18,   1916,  gives  the  following: 

Marked  reduction  in  the  cost  of  thawing  frozen  gravel  in  the 
Klondike  District  has  been  brought  about  by  the  use  of  hot  water 
instead  of  steam.  In  an  article  iri  the  Sibley  Journal  of  En- 
gineering for  September  Dr.  Henry  M.  Payne  states  that  during 
the  season  of  1915,  by  the  employment  of  hot  water  and  other 
improvements,  the  amount  thawed  per  thawing  point  was  in- 
creased 265%;  the  time  required  to  drive  the  points  was  de- 
creased 50% ;  the  average  net  thawing  period  was  decreased  50% ; 
the  fuel  Qonsumption  per  unit  thawed  was  decreased  65%;  and 
the  number  of  points  iised  per  unit  area  (and  consequent  labor- 
saving  in  driving  and  pulling)  was  70%. 

During  the  past  four  years  a  systeniatic  study  of  the  thawing 
problem  has  been  conducted  by.  Dr.  Payne,  and  the  whole  process 
has  been  reduced  to  a  scientific  basis. 

The  actual  temperatures,  specific  heats  and  specific  gravities 
of  the  materials  to  be  thawed  have  been  definitely  determined 
and  several  interesting  physical  characteristics  discovered,  as, 
e.  g.,  it;vvas  found  that  after  reaching  frost  line  the  temperature 
drops  within  the  next  few  inches  to  the  mean  temperature  of  the 
mass,  depending  solely  on  the  natuie  of  the  material,  and  not  on 
its  depth  or  on  water  level. 

The  steam  points,  instead  of  bping  driven  in  rectangular  ar- 
rangement, are  staggered  in  triangular  lay-out,  thereby  reducing 
the  theoretical  unthawed  segment  between  the  thawed  cylinders  of 
ground,  or  the  corresppndingly  necessary  overlap  to  completely 
thaw  the  area. 

Experiments  were  carried  on  with  hot  water  as  a  ,thawing 
medium  instead  of   steam,   the   points   being  '  driven   at  '  varying 
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distances  and  depths,  and  left  foi  various  periods  and  then  xitln- 
di-awn,  and  excavations  made  to  ascertain  their  efficiency. 

The  great  loss  from  condensation  of  steam  was  immediately! 
corrected  by  this  method,  although  the  quantity  of  water  re- 
quired is  3.6  times  as  much  as  for  -steam  at  the  same  pressure, 
the  boilers  being  supplied  by  injectors  and  the  pipe  line  being 
connected  with  the  blow-oflF  pipe. 

The  next  steps  were:  The  substitution  of  an  IngersoU-Rand 
drill  bit  point  for  the  ordinary  one  on  the  steam  point;  the 
design  and  construction  of  a  movable  anvil  to  fit  over  the'  steam 
pi'pe  at  convenient  driving  height  above  the  ground,  eliminating 
the  moving  and  climbilig  of  ladders  at  each  point  while  driving; 
the  use  of  three-way  connections  on  steam  lines ;  and  of  standard 
pipe  lengths  and  train-line  couplings  in  place  of  rubber  hose. 

Eventually  the  thawing  point  was  driven  to  bedrock  at  one 
driving,  and  thawing  started  from  the  bottom  up,  instead  of  the 
j^everse,  as  had  always  formerly  been  the  case. 

Dredging  Frozen  Earth.  Engineering  and  Mining  Journal, 
May  26,  1904,  contains  a  description  of  an  elevator  dredge.  It 
worked  all  winter  in  Montana.  Frozen  sod  7  to  15  in.  in  thick- 
ness could'  be  handled  by  the  buckets  without  blasting,  but  when 
thicker  than  this  it  was  broken  by  small  charges  of  dynamite, 
about '3^  sticks  in  a  hole  for  every  10  sq.  ft.  of  surface  broken. 
T'he  winter  was  mild  and  the  frost  was  never  over  24  in.  thick. 
The  sluice  was  made  of  sheet  irietal  with  an  inner  lining  on  sides 
sthd  bottom  of  wood  between  which  steam  pipes  were  placed. 

Chisel  Excavator  for  Frozen  Ground.  {Engineering  and  Con- 
tracting, Sept.  22,  1909.)  A  machine  that  was  first  used  on 
sewer  work  at  Winnipeg,  Manitoba,  for  excavating  frozen  ground 
was  operated  as  follows :  A  hole  was  first  dug  by  hand  through 
the  frost,  and  then  the  machine  was  put  to  work  chiseling  down 
one  side  of  the  hole  and  elongating  it  into  a  trench.  The  ma- 
chine then  traveled  back  and  forth  along  one  side  of  this  trench, 
breaking  down  one  side  for  several  feet  each  trip,  and  so  widening 
the  trench  until  it  covered  the  whole  area.  The  operating  force 
consisted  of  an  engineer,  a  fireman,  and  four  helpers. 

Briefly  described,  the  machine  consisted  of  a  frame  platform, 
mounted  on  a  truck  and  carrying  two  hammer  guides  like  the 
leads -of  a  pile-driver.  These  teads  were  not  fixed' as  in  a  pile- 
driver  but  were  mounted  bn  wheels,  which  ran  on  the  top  piece 
of  a  sort  of  gallows  frame.  They  were  thus  capable  of  being 
shifted  right'  and  left  a  distance  of  5  ft.  each  way.  In  the 
guides  was  an  800-lb.  hammer,  attached  to  bottom  of  which  was 
a  h-ia.  diameter  bar,  from  3  to  7  ft.  long,  with  its  lower  end 
forged  down   to   a  chisel   edge.     The  drop   of   the   hammer   and 
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chisel  was  usually  about  14  ft.  At  the  center  of  the  platform, 
just  forward  of  the  leads,  was  riveted  a  boom,  whpse  ofit.er  eiid 
was  guyed  back  to  the  top  of  the  gallows  framp.  This  boopi 
made  the  machine  a  derrick  for  handling  frozen  lumps  of  earth 
excavated  by  the  chisel.  A  10-hp.  engine  and  boiler ,  operated 
the  hammer  and  boom.  The  machine  was  invented  by  Mr.  Wil- 
liam Hurst. 

In  excavating  a  sewer  in  Winnipeg,  the  daily  cost  of  operation 
was  as  follows: 

1  Engineman  at  $3.00 $3.00 

1  Fireman   at  $2.00   2.00 

4  Laborers   at  $2.00    8.00 

Goal-and    oil 3.50 

Rental    of    machine    5.00 

$21.50 

The  output  on  trenching  work  was  about  60  cu.  yd.  per  day, 
and  on  foundation  work,  from  200  to  300  cu.  yd.  per  day. 
'  The  work  was  done  when  the  depth  of  frost  was  5  to  6  ft., 
and  the  cost  of  excavating  a  cubic  yard ,  by  pick  and  shovel  \yas 
$1.35.  Using  explosives,  the  cost  has  been  in  individual  cases 
as  low  as  93  ct.  per  cu.  yd.  With  machine,  the  same  excavation 
costs  from  11  to  30  ct.  per  cu.  yd. 

Breaking  Up  Clay.  A  method  of  breaking  up  hard  clay  for 
a  i  dredge  SMnewhat  similar  to  the  foregoing  is  described  in 
Engineering  and  Contracting,  Feb.  12,  1908.  The  foundation 
walls  for  a  bridge  were  sunk  through  sand  and  clay,  the  latter 
being  dark  blue  and  very  hard.  It  was  brittle  when  quite  dry, 
but  like  leather,  when  under  water.  A  dredge  was  used  to  re- 
move -the  overlying  sand  but  could  make  no  impression  on  the 
clay,  f  Accordingly  the  following  method  of  breaking  up  the  clay 
was  employed:  Five  double-headed  rails  each  20  ft.  long,,  and 
weighing  64  lb.  per  yd.,  were  riveted  together.  The  two  outer 
rails  were  splayed  outward  like  a  trident  and  were  sharpened. 
The  center  rail  was  also  sharpened,;  and  the  two  others  were 
cut  off  at  about  2%'  ft.  from  th^  end.  This  arrangement  was 
worked  up  and  down  by  a  steam  hoist,  and,  being  top  heavy,  when 
it  was  driven  into  the  clay  it  tended  to  fall  over,  thus  breaking 
up  the  clay.  In  this  manner  a  hole  1  ft.  deep  and  13%  ft.  in 
diameter  could  be  dug  and  dredged  in  24  hrs. 

A  Uethod  of  Thawing  Ground  for  Trenching  is  illustrated  in 
Emgineering  and  Contracting,  March  19,  1910,  and  is  described 
as  follows : 

In  the  construction,  of  the  Rideau  River  intercepting  sewer  at 
Ottawa,  Ont.,  work  was  carried  on  during  the  winter  months. 
As   the   frost   penetrated   deeply   into   the   ground,   the   thawing 
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device  shovqi  in  the  sketch  was  employed.  This  consi^t^  of  ^ 
box  6  ft.  wide  by  1  ft.  high,  and  a  steam  pipe.'  The  box  wag 
placed  each  night  to  cover  a  section  of  the  proposed  trench  about 
60 '  ft.  in  length  ^~  the  amount  that  would  be  excavated  next 
day.  The  pipe  had  perforations  every  18  in.  The  steam  was 
kept  on  all  night  at  high  pressure. 
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Fig.  27.    Thawing  Device  for  Frozen  Ground. 


Boring  Horizontal  Holes  Under  Frozen  Crust  is  described  in 
Wngvtieering  Wews-Recordi  April  19,  1917,  as  follows: 

In  steam-shOvel  excavation  required  in  frozen  ground  on 
grade-croBsing-elimination  work  at  Mendenhall,  Penn.,  the  Good 
Roads  Construction  Co.  did  some  experimenting  in  blasting  the 
frozen  crust.  The  results  indicated  that  the  most  efficient  method 
was  to  bore  horizontal  holes  with  an  earth  auger  underneath  the 
crust. 

The  iirst  attempt  at  blasting  this  crust  was  made  by  punching 
holes  4  ft.  apart,  with  bars  and  hamniera,  through  the  14-  to 
18-in.  layer  of  frost:  A  quarter-pound  of  60%  dynamite  was  used 
in  each  hole,  the  shots  being  fired  separately  with  a  fuse  and 
cap.  It  developed  that  the  holes  were  too  far  apart  and  the 
powder  too  quick  for  this  claSs  of  work,  the  tendency  being  to 
lilow  out  small  craters  without  loosening  the  entire  crust.  Du 
Pont  low-freezing  farip  powder  was  then  substituted  and  the 
holes  placed  closer  together,  on  3l^-ft.  centers.  The  loading  was 
increased  to  %-lb.  per  hole  and  electric  firing  adopted.  This 
gave  much  better  results,  cracks  extending  from  hole  to  hole, 
which  enabled  the  steam  shovel  to  take  out  the  crust  in  chunks. 

The  best  results,  however,  were  obtained  after  a  face  had 
been  developed  in  front  of  the  shovel  by  boring  horizontal  holes 
with  an  earth  auger  at  the  bottom  of  the  frost  line,  loading 
them  with  %  lb.  of  farm  powder  each  and  firing  them  electrically. 
These  holes  appeared  to  confine  the  expanding  gases  better  than 
the  vertical  holes  and  to  secure  the  maximum  heaving  effect  of 
the  explosive.  The  crust  was  more  thoroughly  broken  and  the 
efficiency  of  the  steam  shovel  increased  by  this  method. 
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Blasting  Frozen  Ground  with  Gopher  Holes.  In  overburden 
stripping  on  the  Mesabi  Range  of  Minnesota  steam  shovel  opera- 
tions are  continuous  throughout  the  year.  Much  of  the  stripping 
is  done  during  the  winter  months.  The  following  description 
of  the  method  commonly  employed  in  breakliig'  up  the  frozen 
ground  is  taken  from  an  article  by  L.  D.  Davenport,  Chief  En- 
gineer Oliver  Mining  Co.,  in  the  Engineering  and  Mining  Journal. 

Shallow  holes,  known  as  "  top  holes,"  are  used  in  stripping  to 
break  the  frost.  These  are  sunk  with  jumper  or  hand-drills 
that  have  been  heated  to  a  dull  red;  in  badly '  frozen  ground 
steam  points  have  been  used.  The  depth  of  the  holes  Will  vary 
fronl  3  ft.  to  6  ft.     The  6harge  used  in  blasting  consists  of  6  lb. 


Removable  Box  m/e'xff'ins/af 
mfh  licf^er  Bottom- 1 %'Diam. 
ffok  tn  Soffom  mffj  wooden  Plua' 
Capoci/yJi  ~^SIb  Block  Paii^r 


Fig.  28.     Details  of  Loading  Device  for  Gopher  Holes. 


to  8  lb.  of  du  Pont  black  powder  per  hole,  depending  on  the 
ground.  In  some  cases  it  is  advisable  to  loosen  the  surface  of 
the  stripping  for  a  considerable  area  by  drilling  holes  3  to  5  ft. 
deep  and  blasting  with  light  charges  of  powder  before  the  frost 
sets  in.  T^he  air  spaces  in  the  ground  thus  loosened  prevent  hard 
freezing.  . 

Stripping  banks  15  ft.  or  more  in  height  are  shaken  up  ahead 
of  the  shovel  by  blasting  "  gopher "  holes.  These  holes  are 
started  at  the  toe  of  the  bank  and  are  pointed  downward  at 
angles  of  5'^  to  10°  from  the  horizonta.1.  "Gopher"  holing,  when 
first  used,  consisted  in  making  the  holes  large  enough  to  permit 
a  man  to  enter  and  work,  but  frequent  accidents  caused  this 
method   to  be   abandoned,   and   "gopher"   holes   at   the   present 
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time  have  an  average  diameter  of  about  15  in.  Loose  groun^  is 
removed  with,  a  No.  2  round-pointed  shovel ,  blade,  the  edges  of 
which  are  .  slightly  turned  up,  fitted  with  a  25-f t.  hand,le  of  2 
or  3-in.  diameter.f,  When  a  .hard  seam  is  encountered, ,  it  is 
drilled  with  a  long  auger  or",  with,  a  moil,  and  one  or  two  sticks 
of  dynp.mite  are  pushed  in  with  a  pointed  loading  stick  and 
fired  with  a  bl?istiijg  machine.  The  loose  ground  is  then  removed 
with  the  shovel,  If  a  boulder ,  is  struck  while  the  "  gopher  "  is 
being-  driven,  repeated  Iblasting.  with  60%  dynamite  will  often 
shatter  it  sufficiently  to  allow  the  hole  to  be  continued.  Where 
it  is  impossible  to  blast  through  a  boulder,  the  hole  is  bottonied 
against  it,  or  a  new  hole  is  begun ,  a  few  feet  away,  depending 
on  the  length  attained.  The  limit  of  length  of  a  "  gopher  "  hole  ■ 
is  about  25  ft.  !' 

In  winter  the  top  of  the  banks  freezes  as  deep  as  8  ft.  Un- 
less this  qrust  is  broken  by  t'ojp  drilling  before  "gopher"  holing 
is  done,  the  latter  usually  undercuts  the  bank,  causing  slabs  of 
frozen  ground  to  slide  down  and  bury  the  loading  tracks  It 
frequently  happens,  even  where- the  frost  has  been  broken,  that 
chunks  too  large  to  be  handled  by  the  steam  shovel  roll  from 
the  bank  to  the  track  and  have  to  be  block -holed  by  drilling  with 
a  steam  hose  or  hot  moils  and  then  blasted. 

The  powder  boss  determines  the  size  of  the  powder  charge 
from  the  height  of  the  bank  and  the  material  encountered  in 
digging  the  hole.  With  a  25-ft.  bank,  15  to  25  sticks  of  dyna- 
mite are  v  sed  to  "  spring "  or  chamber  the  hole,  which  is  then 
loaded  with  5  to  10  kegs  (25  lb.)  of  black  powder.  Wooden 
spoons,  3  in.  X  3  in.  in  cross-section,  2^  ft.  long  and  fitted  with 
25-ft.  handles,  are  sometimes  used  to  place  the  powder  in  the 
holes.  Long  wooden  launders  2  in.  square  with  a  hopper  at  one 
end,  as  shown  ,in  Fig.  28,  are  in.  general  use.  A  keg  of,  powder 
is  emptied  into  the  hopper,  the  cover  shut  and  a  plug  closing 
the  bottom  of  the  hopper  is  pulled  by  means  of  a  cord  through 
the  coyer.  The  box  is  oscillated  by  a  12-ft.  cross-handle,  causing 
the  powder  to  run  down  the  launder  into  the  chamber  of  the 
"  gopher  "hole.  The  long  cross-handle  allows  the  powder  men  to 
sts|.nd  6  ft.  on  either  side,  of  the  hole,  instead  of  directly  in 
front,  as  was  necessary  with  the  old-style  spoons.  Furthermore, 
the  closed  hopper  protects  the  powder  from  the  danger  of  sparks. 
A  detona/tor,  consisting  of  2  to  5  sticks  of  60%  dynamite  with 
two  exploders,  is  placed  in  the  center  of  the  charge.  Two  electric 
blasting  caps,  or  else  one  electric  and  one  ordinary  blasting  cap 
and  fuse,  are  placed  in  each  hole.  The  latter  combination  is  in 
more  general  use  for  the  reason  that  tamping  sometime?  injures 
the   lead   wires    from    the  (electric    caps.     Holes    are    filled   and 
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tamped  to  the  collar  with  sand  or  gravel  and  are  fired  in  bat- 
teries of  3  to  5  at  a  time.  The  distance  between  holes  is  usually 
20'  to  2o  ft.,  and  the  depth  of  the  holes  varies  according  to  the 
shovel  cut  to  be  talcen.  The  general  rjile  is  to  make  the  horizontal 
distance  tetween.  the  center  of  the  loaiding  track  and  the  chamber 
of  the  "  gopher  "  hole  5  or  6  ft.  less  than  the  reach  of  the  shpyel, 
For  example,  with  a  Model  91  shovel  the  distaiice  from  the  center 
of  the  loaiding  track  to  the  tuottom  of  the,  hole,  should  l)e  40  f%., 
as  the  shovel  reach  from  loading  track  to  toe  of  bank  is  about 
45.  ft:    .,  ..,;..,., 

Bibliography.  "  Handbook  of  Rock  Exca,yation,"  H.  P.  Gillette. 
— "  Cost  Data,"  H.  P.  Gillette. — "  Handbook  of  Construction 
Plant," :  R.  T.  Dana. — "  Earth  and  Rock  Excavations,",  Charles 
Prelini. 

Monograph  by  p.  Hersehel  on  picking  and  shoveling, ,  1879. — 
Bulletin  170,  U.  S.  Department  of  Agriqulture,  Traator  Plowing. 

Eng.  and  Con.,  Aug.  20,  1913,  Use  of  Augers  for  Boring  Blast 
Holes  in  Clay. —  Eng.  and  Con.,  Ja,n.  20,  1915,  Analysis  of  Con- 
crete Curb  Construction. —  Eng.  and  Gon.,  Oct.  18,  1916,  Thaw- 
ing Frozen  Gravel. 


chapter  vi 
'spreading,  trimming,  and  rolling  earth 

Spreading.  Trautwine  states  that  a  bankman  will  spread  5  to 
10  cu.  yd.  an  hour.  Ancelin  says,  4.5  to  9  of  earth,  3  to  8  of 
gravel,  and  2.5  of  mud  is  the  average  cubic  yardage- spread  per 
man-hour;  ■ 

If  the  work  Js  crowded,  or  not  on  a  scale  sufficiently,  large  to 
warrant  using  a  leveling  scraper,  estimate  7.5  cu.  yd.  spread  per 
man-hour.  On  more  extensive  work,  where  a  team  can  turn 
around,  use  a  small  leveling  scraper;  or,  if  there  is  abundance 
of  room  for  turning,  a  road  machine  with  three  teams  may  be 
used. 

After  dumping  earth  from  slat-bottom  wagons,  each  load  in 
three  piles,  I  have  lised  a  small  leveling  scraper,  which  with  one 
team  and  driver  and  a  helper  will  spredd  50  cul  yd.  per  hour.        , 

Three  teams  with  a  driver  and  a  helper  on  a  road  grader 
will  spread  90  cu.  yd.  of  earth  an  hour  from  piles  left  by  dump- 
wagons,  spreading  the  earth  in  6-in.  layers.  Thus  the  cost  will 
vary  froiii  2  cts.  per  cu.  yd.  by  hand  labor  to  i^-et.  -by  a  small 
leveling  scraper. 

See  Chapter  IX  for  illustrated  descriptions  of  leveling  scrapers 
and  road  graders. 

Cost  of  Grading  and  Trimming  an  Athletic  Field.  D.  J. 
Ha'ucr,  in  Engineering  and  Contracting,  Jan.  9,  1907,  gives  the 
following : 

The  work  consisted  of  excavating  400  cu.  yd.  of  earth  from 
one  corner  of  the  field  using  it  to  fill  up  some  low  places,  a;nd  in 
making  a  small  running  track,  0.2  mile  long.  The  excavation 
coveied  an  area  of  20,000  sq.  ft.  and  the  places  over  which  the 
earth  was  dumped  were  of  the  same  area.  The  work  was  to  be 
finished  in  18  days  after  starting,  but  owing  to  the  fact  that  on 
14  of  these  days  rain  fell,  it  was  not  finished 'on  time,  and  the 
wet  weather  added  somewhat  to  the  cost.  Every  mark  of  a 
cart  wheel  and  a  man's  foot  had  to  be  effaced  from  the  ground. 
"The  work  was  done  by  contract  in  the  spring  of  the  year. 

The  wages  paid  for  a  10-hr.  day  were  as  follows: 

Laborfirs-    $1.25 

Cart   and   driver    2.25 

One-horse  roller  and  driver   2.00 

The  contractor  took  direct   supervision   of  the  work. 
The  work,  listed  under  the  following  heads,  cost: 

Ditching : 

Labor     $    5.87 

Tiles     5.25 

$  11.12 

152 
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Excavation : 

Labor      ;...    J133.13 

Hauling     91.76 

224.88 

Trimming  and  finishing: 

Trimming    {  36.50 

Baking     6.60  - ' , 

RoUing     12.00 

■       55.00 

Total $291.p0 

The  ditches  were  only  a  foot  deep,  and  a  man  excavated  and 
backfilled  8.4  cu.  yd.  per  day  at  a  cost  of  15  ct.  per  cu.  yd. 

For  the  excavation  the  earth  was  loosened  bj^  a  plow,  two  of 
the  cart  horses  being  used  for  this  purpose  when  needed,  the 
greater  part  of  the  plowing  being  done  after  the  men  quit  work 
for  the  day.  One-horse  carts  were  used  for  hauling,  there  being 
a  driver  to  each  cart.  The  cost  of  loosening  with  pick  and  plow 
and  of  the  loa,ding  as  well  as  dumping  was  33  ct^per  cii.  yd.  at 
the  wages  paid;  for  wages  of  $1.50  per  day  the  cost  would  have 
been  40  cts.  The  hauling  cost  23  ct.,  biit  the  wages  of  hired 
carts  were  low  compared  to  those  paid  to-day. 

Finishing.  The  finishing  consisted  of  three  items,  trimming, 
raking  and  rolling.  The  raking  and  rolling  were  done  on  the 
embankment,  the  trimming  where  the  excavation  was  made.  The 
embankment  was  leveled  with  shovels  as  it  was  made,  and  then 
rolled,  after  which  it  was  raked  with  steel  rakes  and  then 
given  a  final  rolling.  This  cost  0.8  ct.  per  sq.  yd.,  or  4.6  per  cu. 
yd.  of  excavation. 

The  trimming  was  done  with  mattocks  and  square-pdinted, 
short-handled  shovels.  Not  more  than  an  inch  or  two  had  to 
be  dug  and  the  greater  part  of  the  dirt  was  used  to  fill  small 
holes.  The  work  had  to  be  done  carefully  and  levels  were '  run 
over  it  to  see  if  it  was  to  the  proper  grade.  The  cost  was  10.7 
ct.  per  cu.  yd.,  or  1.6  per  sq.  yd.  Each  man  trimmed  78  sq. 
yd.  per  day. 

Surfacinir  and  Dressing  Earthwork.  On  contracts  for  earth 
excavation  the  inatter  of  dressing  up  and  surfacing,  both  of  the 
place  excavated,  and  of  the  place  of  depositing'  the  earth,  should 
be  given  more  consideration  than  it  usually  gets.  Plans  and 
specifications  for  this  work  should  be  included  among  those 
furnished  the  contractor  at  the  time  of  bidding.  Frequently, 
there  should  also  be  a  bidding  item  for  "surfacing." 

On  wagon  road  work  the  dressing  and  surfacing  is  sometimes 
a  large  per  cent  of  the  total  cost.  On  railroads  and  large 
embankments  if  the  work  is  properly  managed  the  coSt  of  dress- 
mg  should  be  a  very  small  part  of  the  cost.  > 
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Contractors  should  impress  this  fact,  upon  their  foremen  and 
put  into  the  hands  6f  their  foremen,  hand  or  Locke  levels,  in- 
structing them  as  to  their  use,  so  that  all  cuts  can  be  taken^  to 
gi;ade,  and  embankments,  carried  to  their  full  height,  including 
shrinkage,  as  the  work  is*  being  done.  A  hand  lev^l  will  be  found 
of  vast  assistance  in  this. 

If  levels  are  to  be  run  over  the  finished  work,  leveling  should 
be  done  frequently  while  it  is  in  progress.  This  may  save  a  lot 
of  costly  surfacing. 

Trimming.  Gillespie ,  says  that  a  man  will  trim  11  sq.  yd., 
or  about  100  sq.  ft.,  surface  measure  of  embankment  per  hr. 
The  writer  is  inclined  to  think  that  Gillespie's  estimate  of  cost 
is  altogether  too  high;  for  a  man  can  pick  and  shovel  ^  cu.  yd. 
of  embankment  an  hour,  at  which  rate  he  would  be  able  to 
"trim"  to  a  depth, of  6  in.  if  he  covered  only  11  sq.  yd.  of 
surface  per  hr.,  whereas  trimming,  "smoothing,"  or  "sand- 
papering "  requires  a  moving  of  about  2  in.  of  earth  instead 
of  6  in. 

From  several  qareful  observations  the  writer  has  foun(^that  a 
gang  of  men  under  a  good  foreman  will  gach  trim  the  sod  and 
humps  off  the  hard  surface  of  a  cut  4o  the  t'epth  of  1  or  1% 
in.  at  the  rate  of  200  sq,  ft.  or  22  sq.  yd.  per  hour,  at  a  cost  of 
?3-ct.  per  sq.  yd:;  and  where  there  was  no  sod  to  remove,  the 
soil  being  sandy  loam,  the  cost  was -one-half  as  much  or  J^-ct. 
per  sq.  yd.  Prior  to  the  world  war,  Massachusetts  contractors 
bid  almost  uniformly  2  ct.  a  sq.  yd.  for  "surfacing"  (wages 
17  ct.  per  hour),  which  includes  rolling  the  finished  surface  with 
steam  roller,  A  roadway,  including  ditches,  36  ft.  wide  and  a 
mile  long,  has  21,000  sq.  yd,  of.  surface,  which  at  %-et.  is  $140, 
actual  cost  of  trimming.  If  the  total  excavation  in  a  mile  is 
3,500  cu.  yd.  (which  is  about  the  average  In  N.  Y.  State),  the 
cost  of  trimming,  distributed  over  this  3,500  cu.  yd.,  is  4  ct.  per 
cu.  yd.  of  excavation,  a  cost  much  greater  than  a  mere  guess 
would  lead  one  to  expect. 

If  "  sandpapering "  is  specified,  it  is  evident  fronji  this  that 
the  item  of  triijiming  must  not  be  overlooked;  and  the  shallower 
the  cuts,,  the  greater  its  relative  importance  as  an  item  of  cost. 
A  levelii^  scraper,  a  road  grader,  or  similar  tool  will  do  the 
trimming  of  comparatively  flat  surfaces  that  are  over  6  ft.  wide 
for,  a  very  much  less  sum  than  by  the  shovel  and  mattock 
method;  in  fact,  the  cost  is  so  slight,  being  merely  nominal, 
that  it  may  then  be  entirely  omitted  from  the  estimate.  The 
author  has  directed  the  scraping  of  a  light  growth,  of  weeds  and 
gr^ss  off  the  4-ft.  shoulder  of  a  road  by  going  once  over  it  with  a 
"Twentieth  Century  grsider "    (a  small  leveling  scraper ) ,  at  a 
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rate  of  200  sq.  yd.  per  hr.  or  ten  times  faster  than  a  man  with 
a  mattock  would  have  done  it;  making  the  actual  cost  about 
14-ct.  per  sq.  yd.  where  the  team,  driver  and  helpers'  wages  were 
50  ct.  per  hr. 

As  illustrating  both  poor  design  and  poor  management,  the 
Forbes  Hill  Reservoir  e}(perienee  may  ; be  referred, to;  for  very 
often  contractors  are  compelled  by  specifications  to  dp  jugt  such 
needlessly  expensive  work  as  the  following'  done, at  Forbes  Hill; 
"  In  order  1  that  the  portion  of  the  banks  near  the  inner  slope 
might  be  rolled  as  thoroughly  as  other  portions,  the  bank  was 
built  with  an  extra  width  of  1  /t.  an^  afterward  trijnmed  to 
grade."  In  trimming^  the  slope  of  the  bank  (hardpan  rolled) 
was  first  plowed,  and  the  material  was  east  down  to  the  bottpin 
with  shovels.  The  final  trimming:  was  done  with  picks  and 
shovels.  Labor  cost  15  to  17  ct.  per  hr.;  teams  45  to  50  ct.'; 
and  1,500  cu.  yd.  were  thus  trimmed'  off.  The  loosening  coat 
56  ct.,  and  the  loading  into. carts  30.6  ct.  per  cu.  yd.,  or  a  total 
of  86.6  ct.  for  loosening  and  loading  each  cubic  yard  of  earth! 

A  contractor  cannot  be  too  careful  in  examining  specifications 
for  reservdir  embankments  -before  bidding. 

Cost  of  Trimming  and  Dressing  Frozen  Glround.  Engineering 
and  Contracting,  Jan.  29,   1908,  gives  the  following: 

About  1,500  Jt.  of  roadbed  had  to  be  dressed  up  to  allow  track 
to  be  laid  at  once.  At  the  time  the  work  was  done  the  ground 
was  frozen  to  a  depth  of  about  one  foot.  .  Naturally  this  added 
much  to  the  cost. 

The  wages  paid  were;  Foreman,  $3.50;  laborers,  $1.50,  and 
cart  and  driver,  $2.50  for  a  10-hr.  day.  From  14  to'  18  men 
worked  in  the  gang  and  -while  the  ditches  were  being  dug  twp 
iearts  were  used,  but  after  the  bulk  of  the  earth  was  moved  ,Qnly 
one  cart  was  kept  on  the  work.     The  cost  was:  ;i;'  ; 

Foreman,    9%    days '. $31.67 

'  Lalibrers,   145^4 'Says    ...: ■     218.25 

•'-'i    'Carts,    IB    days    ..' - 52.50 

Total     ; .'. $302.42 

There  was  3,200  sq.  yd.  of,  surface  to  be  trimmedi;  Abojit  2,300 
sq..' yd.  were  in  the  cut  and  the  rest  was  on  :th^  ,embankme;it. 
Only  a  few  places  on  the  fill  .had  to  bg  cut  d9^Yii;  thg  ,low  places 
being  raised  with,  the  material  from  ithe  cuts.  The  cut,  was 
within  a  few  inches  of  grade  throughout,  only  aljout  10,0,  fiTi.,iy4- 
bein^  taken  out  of  it,  making  an  average  of  about  1  in.  t^  be 
trimmed  off  i the,:  surface.  From  the  iditches  133  cu.  yd.  were 
excavated.  ■  .  , 

The  cost  per  sq.  yd.  of  surface  dressed  was  as  follows: 


166  Handbook  of  earth  excavation 

Foreman     $0.010 ,        ,  , 

Laborers     "-O??  ' 

■       Cart     ..: 0-016 

Total ' ?»-094 

Thus  the  cost  was  between  9  and  IX)  ct.,  when  it  is  frequently 
done  for  1   ct.  per  sq.  yd.  on  railroads. 

From  this  it  will  be  seen  that  each  man  trimmed  and  dressed 
22  sq.  yd.  per  day:  Under  favorable  circumstances  he  would  do 
about  six  tiiries  as  much.  Outside  of  the  work  in  the  ditches, 
only  a  small  piece  of  the  earth  could  be  chipped  bff  the  frozen 
ground  at  a  time.  In  .the  ditches  picks  could  be  used  to  ad- 
vantage,' but  on  the  roadbed  it  was  necessary  to  cut  off  the 
few  inches  of  earth  with  mattocks.  Even  then  it  took  10  to  12 
pickers  to  keep  three  or  foiir  shovels  busy  loading  the  material 
into  carts.  The  total  cost  per  cu.  yd.  of  material  so  moved  was 
$1.80.     One  man  loosened  and  shoveled  in  a  day  about  13^  cu.  yd. 

These  figures  show  conclusively  how  expensive  this  class  of 
work  becomes  when  the  ground  is  frozen.  The  original  cUt  was 
shallow,  the  total  yardage  in  it  being  about  2,000.  Thus  the  cost 
of  trimming  and  dressing  distributed  over  the  yardage  of  the 
cut,  makes  a  cost  per  cu.  yd.  of  15  ct. 

Trimming  a  Subgrade.  Engineering  News,  June  18,  1903, 
gives  the  following:  The  grading  was  done  with  drag'scoop 
scrapersj  wheel-scrapers  and-  wagons,  each  being  used  as  de- 
manded by  the  length  of  haulj  Earth  was  loosened  with  plows 
to  within  3  in.  of  subgrade  and  this  last  layer  then  removed 
with  pick  and  shovel. ' 

The  cost  of  removing  the  last  3  in.  was  2  ct.  per  sq.  yd.  with 
la;bor  at  $1.75  per  4ay  of  10  hr. 

Trimming  and  Seeding  Slopes.  Engineering  News,  Oct.  19, 
1916,  gives  the  following:  A  traveling  derrick  with  skips  was 
used  in  clearing  a  long  cut  on  the  Baltimore'' &  Ohio  R.  R.  near 
Muirkirk,  Md.  The  north  side  of  the  out  f^r  about  2,500  ft,  had 
been  badly  gullied,  and  the  material  washed  down  had  clogged 
the  track  ditch.  The  cut  is  about  30  ft.  deep.  At  the  top  of 
the  slope  was  installed  a  derrick  car  consisting  of  a  timber  plat- 
form or  truck  mounted  on  four  wheels  and  carrying  a  boiler,  a 
15-hp.  double-drum  hoisting'  engine  and  a  stiff-leg  derrick  with 
30-ft.  boom.  This,  car  ran  on  a  wide-gage  track,  which  was 
picked  up  in  the  rear  and  relaid  ahead  as  the  work  progressed. 
The  material  excavated  was  loaded  into  open  flat  boxes  of  12 
cu./  ft.  capacity,  which  the  derrick  raised  and  dumped  to  form 
a  broad  flat  fill  about  4  ft.  from  the  top  of  the  cut.  This  bank 
serves  to  stop  drainage  toward  the  cut  and  renders  a  top  ditch 
unnecessary.' '  The  ditch  was  cleared  out  and  the  slope  dressed 
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tg  a  iinifoi'm  Surface.  The  slope  was  then  covered  with  street 
sweepings  and  sown  with  grass  seed  to  form  a  permanent  pro- 
tective covering.  The  force 'and  organization  were  as  follows: 
1  foreman,  1  engineman,  16  men  trimming  the  slope  and  filling 
the  boxes,  1'  or  2  men  at  guy  lines  to  guide  the  loaded  boxes 
up  the  slope  and  haul  the  empty  boxes  back  into  position,  1 
man  at  the  t6p  of  slope  to  trip  the  boxes  and  spread  the  ma- 
terial in  the  fill,  2  men  shifting  track,  1  cart  and  driver  to 
haul  coal  and  water,  1  water  boy,  1  night  watchman.  This 
force  CO  Id  handle  about  400  boxes  per  day.  The  cost  was 
less  than  60  ct.  per  yd.  For  seeding  the  slopes  a  mixture  of 
alsite  clover,  blue  grass,  alfalfa  and  oats  is  iised.  After  seeding, 
the  surface  is  covered  with  aI)out  6  in.  of  street  dirt  or  street 
sweepings  from  the  large  cities,  this  being  shipped  in  cars  and 
distributed  by  teams  and  men  with  wheel-barrows.  This  method 
has  been  found  very  satisfactory,  and  after  the  first  season  it  is 
easy  to  maintain  the  slopes. 

Ramming  and  Rolling.  A  man  can  thoroughly  ram  or  tamp 
in  6-in.  layers  2^5  cu.  yd.  per  hr.;  but  where  the  soil  is  not 
clayey,  consolidation  may  often  be  more  effectually  and  cheaply 
done  by  puddling  with  water.* 

A  5-ton  roller  with  a  60-in.  face,  drawn  by  three  teams 
handled  by  one  driver,  will  consolidate  about  100  cu.  yd.  an  hr. 
One  team  on' a  2-ton  grooved  roller  will  travel  ten  times  over  a 
6-in.  layer  at  a  speed  of  90  ft.  a  minute  including  rests,  thus 
consolidating  at  a  cost  of  about  1  ct.  per  cu.  yd.  where  teaI^ 
and  driver  wages  are  70  ct.  per  hr.  , 

As  an  example  showing  the  highest  probable  cost  of  spread- 
ing and  rolling  a  reservoir  b9,nk  where  extraordinary  care  is 
required,  the  Forbes  Hill  Reservoir,  described  ty  Mr;  C.  M. 
Saville  in  Engineering  Nefos,  May  13,  1902,  may  be  cited.  The 
material  was  hardpan  (clay  and  jgravel)  spread  in  ,4-in.  layers 
by  hand,  all  cobbles  over  3  in.  in  diameter  being  removed.  The 
sprinkling  Was  done  from  a  water  pipe  a,nd  hose.  tJorrugated 
rollers  weighing  two  short  tons  each,  and  drawn  by  two  horses, 
were  used.  Laborers  were  paid  15  ct.  to  17  ct.  per  hr.,  team 
(and  driver)  45  to  50  ct.  The  dumping  of  wheel-scrapers  and 
spreading  by  hand  cost  7.7  ct,  per  cu.  yd.;  and  the  rolling  cost 
3.9  ct.  per  cu.  yd.  measured  in  cut.  There  is  evidence,  however. 
Indicating  poor  management  in  doing  this  work.  ,     - 

In  reservoir  embankments,  harrowing  may ,  be ,  required,  in 
which  case  a  team  and  driver  upon  a  harrow  may  be  counted 
upon- to  harrow  about  100  cu.  yd.  an  hr. 

Sprinkling.  Sprinkling  of  embankments,  where  specified,  is 
usually  required  to  be  "  io  the  satisfaction  of  the  eiigiheer" — a 
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form  of  wording  that  always  seems  like  an  attempt  to  hide  ig- 
norance under  a  cloak  df  ambiguity.  Seldom  should  more  water 
be  required  than  would  fill  th"e  -voids  in  the  ,packed  earth, 
say  8  cu.  ft.  of  water  per  cu.  yd.  of  earth;  and  as  a  rule  not 
over  half  as  much  as  required  to  secure  satisfactory,  pud- 
dling. 

On  a  large  embankment  three  sprinkling  carts,  .each ,  drawn  by 
three  teams,  with  one  driver,  sprinkled  .  1,0,00  cu.  yd.  of  earth 
per  day  of  10  hr.,  with  short  haul.  .  Such ,  carts  ,  each  held  150 
cu.  ft.  of  water  weighing  4.5  tons,  which  is  an  exceedingly  large 
cart.  A  sprinkler  of  this  capacity  can  be  loaded  from  a  tank  in 
15  mill.,  and  emptied  in  the  same  length  of  time.  Knowing  the 
length  of  haul  and  speed  of  team  the  cost  of  sprinkling  is  readily 
determined.  In  the  case  just  given  the  cost  was  2.3  ct.  per  cu.  yd. 
pf  earth  for  sprinkling  and  about  5  cu.  ft.  of  water  per  cu.  yd. 
were  used.  ,  , 

A  man  with  a  good  hand -pump-  will  raise  1,000,  cu.  ft,  of 
water  16  ft.  high  in  10  hr.  into  a  tank,  making  the .  cost  of 
pumping  in  this  case  by  five  men  for  the  IjOOO  cu.  yd.  of  earth 
sprinkled,  1.5-ct.  cu^  yd.,  when  wages  are  30  et.  per  hr.  Had  a 
small  engine  burning  1^  ton  soft  coal  a  day  and  an  engineman 
been  employed,  the  cost  would  have  been  about  ha^f  as  much. for 
.  the  pumping  item. 

Cost  of  Spreading  and  Boiling  a  Reservoir  Embankment. 
The  'Tabeau  Dam  in  California  is  an  earth  embankment  100 
ft.  high,  containing  370,000  cu.  yd.  of  embankment.  Mr.  Burr 
Bassell  is  authority  for  the  following:  '     ,     , 

The  earth  ( a  clay  mixed  with'  gravel )  i^as  spread  fn  6-in. 
layers,  sprinkled  and  rolled.  To,  spread  the  2,000  cu.  yd.  of 
embaifkment  daily,  there  were  3  road  graders  operated  by  6 
horses  and  2  men  on  each  grader.  There  were  2  rollers,  each 
operated  by  6  horses  and  one  driver.  There  were  2  harrows,  and, 
while  Mr.  Bassell  does  riot  so  state,  presumably  4  horses  and  a 
driver  to  each  Tiarrow.  At  $1.50  per  l6-hr.  day  for  each  man 
and  $1  for  each  horse,  we  have  following  cost: 

Per  cu.  yd. 
ct. 

Spreading 1.5 

Sprinkling     , 0.8 

Harrowing 0.6 

Boiling     , 0.8 

Total     '. 3.7   . 

Loading  and  ^hauling   ;..i .-. 32,3 

G-eneral   expense    (estin^ated)    ^..., 2.0 

,     Plant   charge    (estimated) 1.0 

-I      ,l".i|,.''i ',-;       ,- >(i.. !,:.!,, ■■  ,. 


Total     ..,..,.,..: ;. . , .,. . ., 39.0;  \ 
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,  Test  pits  dug,  in  thi?  dam  showed  a  Weiglit  of  133  lb.  per 
cu.  ft.  of  compacted  earth.,  . 

The  above  given  yardage ,  relates  to  the  yardage  in  the  em- 
bankment, not  in  the  barrow  pits. 

The  rates  of  wages  are  merely  assumed  for  illustration.  It  is 
probable  that  laborers  received  $2  per  day  at  that  time  arid 
place. 

Smoothing  and  leveling  Tarm  land  with  Tractors.  Engineer- 
ing and  Gontraeting,  June  12,  1918,  describes  some  experimental 
work  that  has  been  done  by  the  Reclamation  Service  on  the 
Truckee-Carson  project.  Land  that  is  too  rough  to  be  irrigated 
by  the  "  boarder-check "  system  'of  irrigation  is  being  roughly 
leveled  for  this  purpose,  its  final  leveling  being  left  to  the 
farmer. 

For  use  with  this  system  of  irrigation  the  land  is  divided  into 
strips  by  building  low  wide  parallel  levees  running  with  the 
slope  and  60  to  70  ft.  apart.  The  slope -of  lands  between  levees, 
where~ soils  are  light,  should  not  be  less  than  0.2  ft.  per  100  ft.; 
on  heavier  soils,  about  0.1  ft.  per  100  ft.  is.  allowed  as  a  mini- 
mum. The  length  of  strips  is  from  330  to  660  ft.,  depending  on 
topography  and  the  economic  arrangement  for  farm  laterals  and 
for  t|h^  removal  of  surplus  irrigation  -W^ater. 

Before  work  of  rough  leveling  is  started  a  topographic  survey 
is  made  of  the,  tract.  This  is  u^ed  in  part  to  determine  the  posi- 
tion of  the  main  and  lateral  ditches  and  drains,  but  mainly  to 
determine  the  direction  of  slope  to  be  given  the  lands  that  are 
to  be  leveled.  Where  the  general  slope  is  hard  to  determine 
with  the  eye,  0.5-ft.  contours  should  be  taken,  when  the  slope  is 
more  pronounced  intervals  of  1  ft.  are  ample,  and  where  the 
tract  as  a  whole  has  a  pronounced  slope  2-ft.  contours  are 
sufficient. 

In  preparing  a  farm  unit  for,  rough  leveling  the  prevailing 
slope,  possible  water  surface  elevations  and  the  ditch  and  drain- 
age system  should  all  be  considered,  After  these  factors  have 
been  determined  roughly,  and-  the  farm  is  plowed  to  agree  with 
the  general  pcheme  of  the  tract,  a  line  of  levels  is  run  around  a 
5,  10  or  20-acre  part  of  the,^nit,  the  size  of  the  tract  depending 
on  the  general  slope.  Stakes  are  then  set  at  the  lower  and  upper 
end  of  the  land  as  -guides  for  the  tractors  doing  the  leveling. 
The  land  is  plowed  first,  but  not  disked.  The  sod  crumbles  under 
the  weight  of  the  equipment,  and  as  the  shaping  of  the  land 
progresses  the,  lumps  disappear.  In  fact,  sandy  lands  >  do  not 
need  to  be  plowed  at  all.  The  land  is  generally  divided  into 
squares  or  rectangular  strips  arranged  so  as  to  give  the  minimum 
ditch  length.     The  final  leveling  and  shaping  of  the  land  is  done 
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by  the  farmer  at  the'  time  the  levees  and  ditches  are  constructed. 
This  work  is  usually  done  with  fresno  scrapers. 

During  the  summer  of  1917  two  tractors  were  operated,  mainly 
as  an  experiment  and  to  determine  the  costs  of  pf epaf ing  the  - 
land.  A  flood-lighting  system  has  been  devised  for  working  the 
machines  24  hr.  per  day.  If  this  proves  to  be  practical,  it  will 
ybe  possible  to  level  about  500  acres  per  month,  or  about  300 
acres  if  the  tractors  are  worked  only  16  hr.  per  day. 

The  two  machines  have  worked  16  hr.  nearly  every  working 
day  through  the  season.  The  average  amount  of  rough  leveling 
has  been  126  acres  per  month,  including  -all  lost  time.  The 
average  cost  has  been  as  follows: 

Per  acre 

Operation  of  plant  and  equipment   $18.50 

Depreciation  of  .plant  and  equipment   5.00 

Engineering 1-50 

General    expense    ^  —  ■ 3.75 

$26.75 

To  this  must  be  added  the  $6  per  acre  for  plowing,  making  the 
total  cost  $32.75  per  acre.  This  includes  several  plowings  on 
some  land. 

In  the  tract  where  work  is  being  done  there  are  thirteen  80- 
acre  units.  Some  leveling  has  been  done  on  nearly  every  unit. 
As  the  remaining  acreage  is  noticeably  rougher  than  that  leveled, 
we  assume  that  when  the  tract  is  done  the  average  cost  will  be 
about  $40  per  acre.  So  far  the  tractors  have  worked  only  ou 
unentered  public  lands.  The  leveling  of  uncultivated  settled 
lands  has  been  considered,  but  no  decision  has  been  reached; 
In  fact,  the  terms  at  which  the  Government  will  require  the 
return  of  the  cost  for  rough  leveling  have  not  yet  been  determined. 

Smoothing  Devices  Used  in  Preparing  Land  for  Irrigation. 
These  are  described  in  Engineering  and  Contracting,  Jan.  31, 
1912. 

In  preparing  land  for  irrigation  it  is  essential  that  even  the 
smallest  irregularities  be  smoothed  down  so  that  an  even  dis- 
tribution of  water  can  be  obtained.  The  land  is  not  necessarily 
leveled  but  is  graded  to  an  even  and  continuous  slope.  Fresno 
scrapers  are  used  on  this  work,  but  home-made  leveling  devices 
are  preferred.  '' 

Rectangular  leveler.  Fig.  1  shows  a  leveler  commonly  used 
in  California.  It  is  a  heavy  tool  requiring  from  eight  to  ten 
teams  to  haul,  but  it  will  cut  down  small  hummocks,  removing 
shrubs,  roots  and  all.  It  is  solidly  built  of  4  by  12-in.  timbers. 
One  cross-pieee  is  arranged  to  move  up  and  down  by  means  of  a 
lever,  so  that  the  entire  weight  of  the  machine  can  be  thrown 
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on  it  for  cutting  down  hard  knolls.  All  of  the  cross-pieces  are 
shod  on  their  faces  with-  %  by  6-in.  steel  plates.  ■  Heavy  chains 
and  eveners  are  employed  to  hitch  the  teams  to  the  leveler,  and 
these  are  of  considerable  service  in  breaking  down  any  shrubs 
that  may  be  growing  on  the  land.  Altogether  the  weight  of  this 
leveler  is  not  far   from   a  ton,   including  the  drivel:  and  lever 
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Rectangular  Leveler  for  Heavy  Grading. 


operator,   both  of  whom  ride  on-  the  machine.     The  rectangular 
leveler  does  the  best  work  where  the  knolls  are  regftlar  in  size 
and  position.     Such  lands  are  commonly  worked  over   in  bands 
or  strips  a  half-mile  to  a  mile  long  ^nd  300  to  1,000  ft.  wide. 
Modified  Buck  Scraper  or  Planer.     This  device'  shown  by  Fig, 


Fig.  2.     Planer  for  Smoothing  Graded  Land. 

2  is  designed  particularly  to  give  the  finishing  grade  following 
the  rough  grading  done  with  scrapers  or  with  the  rectangular 
grader,  Fig.  1,  hence  the  name  planer.  It  is  L-shaped  in  sec- 
tion, being  made  up  of  a  horizontal  4  x  12-in.  plank  14  ft.  long 
and  a  back  board  of' 2-in.  plank  18  in.  high.  The  bottom  and 
back  are  bound  together  by  the  steel  plate  with  which  the, base 
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is  shod  and  by  strap  iron  brackets.  The  front  edge  of  the  base 
plate  is 'beveled  to  a  cutting  edge.  The  back  board  is  1  ft. 
shorter  than~  the ,  base  at  each  end  to  provide  for  the  standing 
boards  on  which  the  d,rivers  ride.  There  are  two  drivers  each 
handling  ,  a  fourrhorse  team  hitched  to  each  end  of  the  base. 
By  throwing  their  weights  onto  the  front  or  rear  ends  of  the 
foot  boards,  the  cutting  edge  is  tilted  down  or  up  to  shave  off  a 
layer  of  earth,  or  to  ride  over  and  distribute 'the  soil  smoothly. 
The  whole 'manipulation  of  the  planer,  including  turning,  is  easy. 
As  ordinarily  used  the  planer  follows  the  rough  grader'  shown 
in  Fig.  1.  When  the  grader  has  uprooted  and  removed  the  brush 
and  major  irregularities^  the  planer  is  employed  to  do  the  final 
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Mg.  3.  Grid-Iron  Drag  for.  Heavy  Grading. 

smoothing.  Records  of  woiJ<  in  California.  giVe  the  cost  of  re- 
moving brush  and  hummocks  by  the  rectangular  grader  as  $1  to 
$1.20  per  acre;  the  final  planing  costs  from  $1  to  $1.50  per 
acre  more,  making  a,  total  cost  of  $2  to  $2.75  per  acre  for  com- 
plete grading. 

Grid-Iron  Grader.  Fig;  3  illustrates  a  home-made  grader  used 
in  Montana.  The  outside  longitudinals  or  runners  are  16  ft.  long 
and  are  made-  up  each  of  two  2  x  0-in.  pieces  set  one  highet'  than 
the  other  as  shown  by  the  detail  drawing.  Between  tKese,  run- 
ners and  running  across  the  grader  are  set  eight  2  x  4-in.  pieces 
which  are  shod  with  steel  plates  to  form  scrapers.  The  inclina- 
tion of  the  2x4-in.'  scrapers  is  to  be. noted;"  also  the  intermediate 
longitudinals  and  the  diagonal  bracing; 
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Wheeled  Planer.  For  smoothing  the  ground  after'  grading  the 
device  shown  by  Fig.  4  is  an  approved  tool. '  '  This  is  also  a  Mon- 
tana device.  The  main  structural  features  are  ,  shown  i  by  the 
drawings;  it  may  be  noticed,  however,  that  the  frame  is  raised 
about  14  in.  by  the  wheels  and  that  the  scraper  blade  is  steel 
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Fig.  4.     Wheeled  Leveler  for  Smoothing  Graded  Land. 

shod.  This  planer 'is  hauled  by  three  to  four  horses  and  under 
competent  handling  will  level  from  10  to  20  acres  of  graded  land 
per  day.  Bulletin  145,  Office  of  Experiment  Stations,  gives  the 
average  cost  in  Colorado  and  Wyoming  of  preparing  land  for 
irrigation  as  follows: 
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Item  Per  acre 

Grubbing  sage  brush    $1.50 

Plowing 2.50  ■ 

Harrowing 0.50 

Grading     1.00 

Total    ...i: .;.j........i...    $5.50 

Bibliography.  "Cost  Data,"  H.  P.  Gillette.— " Highway  Em- 
gineer's  Handbook,"  Harger  andBonney  (Data  on  Spreading  and 
Rolling).  '  ; 

Bulletin  145,  U.  S.  Department  of  Agriculture,  Preparing  Land 
for  Irrigation. —  Eng.  ^ews.,  April  28,  1901,  C.  R.  Coultee  on 
method  of  compacting  lumpy  clay  on  Soulanges  Canal. 


CHAPTER  VII       . 
HAULING  IN  BARROWS,  CARTS,  WAGONS  AND  TRUCKS 


In  selecting  the  most  economic  method  of  hauling  earth  over 
roads,  the  size  of  the  job  and  the  length  of  haul  are  two  of  the 
most  important  factors.  There  are  so  many  other  factors  that 
little  is  to  be  gained  merely  by  enumerating  them.  Perhaps  the 
best  way  to  secure  an  insight  into  the  problem  is  first  to  con- 
sider each  of  the  different  kinds  of  plant  used  in  hauling,  to- 
gether with  the  respective  methods  and  detail  costs. 

lead  and  Haul.  The  "  lead  "  is  the  distance  between  the  cen- 
ter of  mass  of  earth  in  the  "  cut "  or  pit  and  the  center  of  mas^ 
of  the  embankment.  The  "  haul "  the  distance  actually  traveled 
in  moving  the  earth  from  "  cut "  to  "  fill "  or  embanlifiient, 
measured  one  way.  The  haul  is  half  the  round  trip  distance, 
and  is  often  considerably  greater  than  the  lead. 

Types  of  Wheelbarrows.  Engineering  and  Contracting,  Dec. 
30,  1908,  gives  the  following:  There  are  many  styles  of  barrows 
made  for  different  classes  of  work.  Those  used  on  earthwork 
are  of  the  tray  pattern.     The  frame  is  usually  of  wood  or  of  a 


Pig.  1.    Wood  Tray  Wheelbarrow. 


Fig.  2.    Stave  Tray  Wheelbarrow. 
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coaibination  of  wood  and  steel,  wheels  are  of  wood  or  steel  from 
15  to  21  in.  in  diameter.  Large  wheels  make  tlie  barrow  easier 
to  .propel.  Steel,  wheels  are , preferable  to  wooden  wheels  on  ac- 
count of  their  greater  durability.  The  trays  are  made  either,  of 
wood  or  steel.     When  only  earth  is  being  handled  steel  trays  are 


Fig.  3.     Steel  Tray  Wheelbarrow. 


to  be  preferred,  as  the  trays  do  not  sift  the  dirt  oVer  the  run- 
ways, and  the  dirt  dumps  easier,  especially  if  wet!     When  there 
is   much   rock   in   the   excavation  the   wooden   trays    five   better- 
service  and  are  more  economical.     They  get   out  of   order  mor& 
ea.-sily  than  the  steel  trays  but  are  easily  repaired.     They  are  not 
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so  apt  to  be  bent  out  of  shape  from  rough  handling,  and  for  that 
reason  are  superior  to  the  steel  for  handling  rock. 

All-steel  tubular  barrows  are  made,'  the  entire  barrow  and 
running  gear  being  of  steel.  They  are  too  heavy  for  earth  exca- 
vation. Such  barrows  weigh  from  70  to  125  lb.,  while  steel  trays 
on  wooden  frame  or  running  gear  weight  from  55  to  70  lb.  and 
the  wooden  tray  barrow  weighs  from  40  to  60  lb. 

Runways  of  the  same  kind  should  always  be  used  for  wheel- 
barrows. The  common  practice  for  level  short  hauls  is  to  lay 
1-in.  planks  on  the  ground  with  their  ends  butting  together. 
Where  one  man  only  has  to  wheel  a  barrow  over  the  runway, 
and  the  planks  are  changed  frequently,  such  a  runway  Is  eco- 
nomical and  answers  the  purpose  very  well,  but  when  a  number 
of  barrows  are  to  go  over  the  runway  the  ends  of  the  boards 
should  be  nailed  to  a  small  sill  sunk  into  the  ground,  so  as  to 
prevent  the  boards  from  being  knocked  out  of  place.  Good  run- 
ways quickly  pay  for  themselves,  as  to  delay  a  long  line  of 
barrows  only  a  few  minutes,  to  straighten  out  or  repair  a  run- 
way, means  to  waste  considerable  money.  Where  runways  are 
not  laid  directly  on  the  ground,  but  are  elevated,,  2-in.  planks 
should  be  used,  and  the  runway  should  be  at  least  24  in.  wide. 
They  should  be  substantially  built,  so  that  there  is  no  motion 
or  swaying  to  them,  as  the  men  wheel  over  them,  or  else  the 
barrow  pushers  will  slacken  their  pace;  this  is  especially  true 
when  goin";:  on  an  incline.  Steep  inclines  that  are  short,  men 
go  up  easily,  but  long  inclines,  though  not  so  steep  as  short 
ones,  men  push  their  barrows  up  slowly.  In  either  case  a 
strongly  built  rimway  is  needed.  To  obtain  good  work  men, must 
be  made  to  believe  they  are  safe  from  injury  while  at  their 
work. 

A  Barrow  with  Special  Dumping  Device  is  described  in  En- 
gineering and  Contracting,  Jan.  15,  1913. 

A  wheel  barrow  whicli  is  dumped  by  pushing  down  on  the 
handles  and  with  half  the  work,  it  is  claimed,  that  is  expeHded 
in  lifting  the  barrow  in  dumping  by  the  ordinary  method  is 
illustrated  in  Fig.  4.  The  barrow  calls  for  little  description. 
When  loaded,  the  steel  body  rests  on  the  frame  in  virtually  the 
same  position  in  respect -to  the  wheel  and  handles  as  does  the 
body  of  the  ordinary  barrow.  It  can  thus  be  dumped  like  an 
ordinary  wheel  barrow  by  tipping  sidewise  or  by  lifting  the 
handles  and  dumping  over  the  front  edge,  or  it  can  be  dumped 
as  shown  by  the  illustration.  In  duinping  by  pushing  down  on 
the  handles  it  is  easy  to  regulate  the  outflow  tg  a  thin  stream 
in  filling  narrow  forms  or  by  a  quick  downward  thrust  to  dis- 
charge'the  whol'e  load  suddenly.     This  barrow  is  known- as  the 
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Lang  Self-Dumping  Wheelbarrow  and  is  sold  by  Miller  &  Coiilson, 
Pittsburgh,  Pa.  -   : 

Oosts  with  Wheelbarrows.  Barrows  are  not  economic  extSept 
in  muddy  places  where  horses  would  mire,  or  in  narrow  confined 
places,  or  in  moving  very  stony  soils  short  distances,  or  where 
the  quantity  of  earth  is  small. 

Trautwine  assumes  that  a,  man  will  load  and  dump  a  wheel- 
barrow in  1.25  min.,  the  barrow  holding  1^4  cu.  yd.,  and  that  a 
man  will  travel  200  ft.  a  minute.  He  further  allows  10% 
"  time  lost "  in  rests.  His  tables  of  cost  are  about  right  for 
hauls  of  ordinary  length,  such  as  a  100-ft.  haul,  but  are  grossly 


Fig.  4.     Long  Self-Dumping  Wheelbarrow. 


in  error  for  short  hauls,  as  for  25  ft.,  where,  by  his  false  as- 
sumption that  a  barrow  can  be  loaded  in  1.25  min.,  he  makes 
an  output  of  25.7  cu.  yd.  in  10  hr.  per  man,  the  actual  dutput 
being  not  much  over  half  as  much.  The  error  arises  from  a 
short-time  observation  where  insufficient  time  was  allowed  for 
necessary  rests.  , 

From  careful  observations  the  author  has  found  that  -a  man 
walks  at  a  speed  of  250  ft.  a  minute,  and  loses  %  min.  each  trip, 
dumping  load,  ifi:^ing  run  plank  and  resting;  and  that  it  takes 
2.25  min.  to  load  a  barrow  holding  ^5  cu.  yd.  place  measure  of 
earth  already  loosened  (rate  of  loading  being  1.8  cu.  yd.  an  hr.), 
and  in  this  the  author  is  confirmed  by  Cole's  obser t-ations  (see 
Gillespie)    on  the  Erie  Canal. 

Wherever  the  word  "haul"  is  used,  the  distance,  one  way, 
from  the  point  of  loading  to  the  point  of  dumping  is  meant. 

In  repairing  breaks  in  a  levee  where  the   material  was  very 
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sticky  adobe  clay,  Mr.  Specht  made  the  following  observations 
as  to  cost:  Haul  208  ft.,  rise  7  ft.,  load  in  wheelbarrow  :^^  cu. 
yd.,  7.5  min.  per  round  trip;  output  per  Chinaman  on  wheel- 
barrow, 10.8  cu.  yd.  in  9.5  hr.  of  actual  working  time. 

10  Chinese  on  wheelbarrows,  at  $1.B0   $15  00 

3  Chinese  a  $1.50 \ ]       4I50 

, , ,  ,      1  White  foreman .'.'.'.'.        2!50 

108  cu.  yd.  per  day  at  20.4  ot. $22.00 

It  will  he  noted  that  the  load  of  a  wheelbarrow  giVen  by, 
Specht  is  double  that  ordinarily  given.  The  author  believes  it  to 
be  misleading,  since  ^  cu.  yd.  of  clay  would  weigh  350  to  400  lb., 
and  not  even  a  Chinaman  would  move  such  a  load  as  that  day 
in  and  day  out.  Based  upon  the  data  given  in  this  and  "pre- 
ceding chapters  we  have : 

Rule.  To  find  the  cost  per  cu.  yd.  of  picking,  shoveling,  and 
hauling  aTerage  earth  in  wheelbarrows,  multiply  this  wages 
of  a  laborer  per  hr.  by  one  and  one-sixth  and  add  one-third  of  an 
hr.'s  wages  for  each  100  ft.  of  haul.  When  wages  are  30  ct.  per 
hr.  this  rule  becomes:  To  a  fixed  cost  of  35  ct.  add  10  ct.  for 
each  100  ft.  hauled. 

Capacity  of  Wheelbarrows.  Mr.  James  H.  Harlow  {Engineer- 
ing News,  Sept.  21,  1905)  found,  when  removing  earth  filling 
from  one  cofferdam,  and  placing  it  in  another,  that  7,959  bar- 
row loads  held  454  cu.  yd.  by  measurement,  or  0.057  cu.  yd.  or 
1.54  cu.  ft.  per  barrow.  This  material  was  a  sandy  loam  weigh- 
in'g  80.3  lb.  per  cu.  ft.  When  removing  gravel  from  a  bar  at 
Davis  Island,  he  found  that  23,484  barrow  loads  equaled  1,228 
cu.  yd.  by  measurement,  or  0.0546  cu.  yd.  or  1.47  cu.  ft.  per 
barrow. 

Wheelbarrows  Loading  into  Cars.  At  Portland,  Oregon,  in 
1883,  a  large  bluff  was  excavated  at  the  rate  of  153,000  to  183,000 
cu.  yd.  per  month  by  wheelbarrows  and  horse-scrapers  loading 
into  cars.  This  work  is  described  in  an  illustrated  article  by 
Mr.  George  B.  Francis  in  Engineering  News,  Nov.  28,  1885. 

Two  platforms  each  700  ft.  long  and  40  ft.  wide  were  built  par- 
allel with  the  foot  of  the  bluff.  Beneath  each  platform  were  two 
standard  gage  tracks  on  which  flat  cars  with  side-dump  boxes 
were  drawn  by  locomotives;  each  car  held  about  6  cu.  yd. 
place  measure.  The  material  was  dumped  into  the  cars  through 
holes  20  in.  square. 

The  earth  was  loosened  and  thrown  down  the  slope  by  blast- 
ing with  Judson  powder  on  the  top  and  slopes  of  the  bluff.  On 
one  ptatform  600  Chinamen  with  wheelbarrows  loaded  the  cars, 
and  on  the  Other  horses  .and  scrapers.  The' rivalry  between  these 
gangs  resulted  in  efficient  work. 
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'  The  first  month,  when  part  of  the  earth  was  clumped  into 
water,  the  material  shrunk  10%  from  place  measure  to  measure 
iii  the  fill;  the  second  month  8%,  a;id  the  first  410,000  cu.  yd., 
3.4%. 

Cost  of  Wheelbarrow  Work  at  the  Albany  Filter  Plant.  Mr. 
Geo.  I.  Baily,  in  a  paper  read  before  the  American  Water  Works 
Association  in  1901,  gives  the  operating  cost  of  the  Albany 
Filter  Plant.  He  states  that  the  ordinary  wages  of  .$1.50  per 
day  of  8  hr.  was  paid  but  that  efficient  work  was  insisted  upon. 

"  A  part  of  the  success  is  due  to  the  attention  which  we  have 
given  to  details  of  the  work.  We  have  endeavored  to  improve 
not  only  the  work  of  the  men  and  to  simplify  it,  but  to  furnish 
them  suitable  tools.  On  the  start  for  scraping  we  used  the 
ordinary  straight  edge,  D-handle  shovel.  We  learned  that'  it 
lamed  the.  backs  of  our  men  and  they  could  not  work  to  ad- 
vantage. We  abandoned  these  shovels  for  long-handled  shovels, 
which  would  allow  the  men  to  keep  in  a  more  erect  position, 
and  to  overcome  the  slower  handling  of  the  new  shovel  we 
widened,  the  blade  to  12-in.,  and  with  these  shovels  our  men 
scraped  more  than  100  sq.  yd.  an  hr. 

"  In  tihe  running  plank  used  for  wheeling  out  scraped  material 
we  found  that  to  give  a  proper  foundation  and  width  we  had  to 
use  two  of  the  ordinary  10-  to  12-in.  planks,  and.  then  the 
service  was  not  good.  We  had  planks  specially  sawed  14  in. 
in  width,  and  one  of  these  planks  answers  the  purpose  better  than 
two  of  the  others.  They  are  placed  as  speedily  as  one  of  the 
otlier  planks  and  the  time  is  therefore  reduced  one-half.  The 
ordinary  wheelbarrows  used  were  not  acceptable.  On  the  grades 
that  our  men  had  to  go  the  weight  was  shifted  on  the  men's 
arms  instead  of  being  carried  on  the  wheel  and  we  therefore 
re-adjusted  on  the  wheels,  giving  a  proper  distribution  of  weight 
and  saving  the  strength  of  our  men." 

Comparative  Cost  with  Wheelbarrows  and  Carts.  In  exca- 
vating for  the  filter  bed  at  Brockton,  Mass.,  wheelbarrows  and 
one-  and  two-horse  carts  were  used.  The  comparative  cost  of 
these  vehicles  is  given  in  Fig.  5.  In  many  cases  the  haul  was 
up  an  incline  and  it  was  found  that  in  wheelbarrow  work  a  lift 
as  great  as  5  ft.  per  100  made  no  apparent  difference  in  cost. 
The  time  taken  in  returning  with  the  empty  wheelbarrows  was 
60%  of  the  total  time  occupied  per  round  trip,  which  proved 
that  the  work  was   under   the   direction,  of   inefficient   foremen. 

The  cost  of  spreading  earth  on  the  embankment  amounted  to 
0.75  ct.  per  cu.  yd.,  and  is  not  included  in  the  diagram.  Wheel- 
scrapers  were  not  used  very  often,  as  the  number  of  roots  left 
in   the  ground   after   grubbing,   and   the   necessity   ifor   removing 
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them  from  the  embankment  material,  precluded  their  use.  When 
wheelscrapers  could  be  used  the  cost  of  hauling  125  ft.  varied 
from  5  to  6  ct.  per  cu.  yd. 

About  15  cu.  yd.  per  man  per  day  were  handled.     One  fore- 
man was  employed  to  each  16  shovelers. 
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Fig.  5.     Relative  Efficiency  of  Wheelbarrows  and  One  and  Two- 
Horse  Vehicles  in  Moving  Earth  on   Brockton   Filter   Beds. 

Excavating  Earth  and  Hardpan  for  a  Creek  Change.  B»- 
gvneerimg  and  Contracting,  Aug.  19,  1908,  gives  the  following: 

The  work  described  was  the  changing  of  the  channel  of  a 
small  creek  in  the  Cumberland  Mountains,  in  connection  with 
the  construction  of  a  new  line  of  railroad.     The  located  railroad 
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crossed  the  creek  twice  within  300  ft.  and  to  make  a  diversion  of 
the  stream  meant  the  saving  of  a  20-ft.  arch  culvert. 

The  new  channel  was  made  20  ft.  wide  on  top,  15  ft.  on  the 
boiiom'and  had'an  average  depth  of  6  ft.  It  was  about  250'  ft. 
long.  The  top  2%  ft.  was  a  sandy,  clay,  while  the  rest  of  the 
material  was  a  haj-d  cemented  gravel.  This  had  to  be  blasted 
before  it  could  be  shoveled. 

The  blasifcing  was  done  with  dynamite,  holes  being  put  down  in 
the  gravel  in  series,  being  spaced  5  to  6  ft.  apart,  and  about  15 
holes  shot  at  one  time,  with  a  battery.  Picks  were  then  used 
to  loosen  the  material. 

Under  the  specification  cemented  gravel  was  classed  as  loose 
rock,  and  the  engineers  classified  the  excavated  material  as  400 
,cu.  yd.  of  earth  and  600  cu.  yd.  of  loose  rock,  there  being  in  all 
1,000  eu.  yd.  of  excavation.  The  excavated  material  was'  placed 
in  an  adjoining  embankment,  the  earth  being  loaded  onto  wheel- 
barrows. The  haul  averaged  50  ft.  Boards  were  used  as  run- 
ways. When  the  work  commenced  a  man  loaded  a  wheelbarrow 
and  pushed  it  to  and  from  the  ^dump,  but,  as  the  trench"  became 
deeper,  one  man  stayed  in  the  trench  and  loaded  the  barrow, 
while  another  operated  it.  However,  as  two  barrows  were  used, 
■  one  being  loaded  while  the  other  was  going  to  the  dump,  it  meant 
a  wheel'barroW  for  each  man. 

Cost  of  Excavation.  The  total  cost  of  the  work  amounted  to 
the  following: 

Foreman,   22, days,  at  J3.00    $66.00 

Laborers,   188%  days,  at  $1.26   235.63 

Blasting     47.68 

Total    $349,31 

The  average  cost  per  cu.  yd.  was: 

Foreman $0,066 

Labor,  loosening,  glioveling  and  wheeling  0.236 

Blasting: 

Labor 0.025 

Explosives 0.022 

Total $0,349 

The  cost  per  cu.  yd.  for  each  class  of  material  excavated'  was 
as  follows,  being  a  comparative  cost  to  the  price  paid  for  each 
class  of  excavation: 

Earth: 

Foreman $0,042 

Labor    .- 0.148 
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Blasting: 

Labor    JO.OIB 

Explosives     0.013 


Total jq.218 

Loose  rock  or  hardpan: 

Foreman $0,083 

Labor    0.297 

Blasting :  ' 

Labor    0.031 

Explosives     0.026 

Total    $0,437 

One  man  loosened,  loaded  and  wheeled  5%  cu.  yd.  per^  day, 
which  is  a  fair  day's  work  in  this  class  of  material  and  under 
the  conditions  named. 

Two  valuable  lessons  are  to  be  learned  from  this  job.  The  first 
is  a  lesson  for  the  contractor.  This  excavation  should  never  have 
been  made  by  hand,  but  instead  teams  with  drag  scrapers  should 
have  been  used. 

This  work  could  have  been  done  cheaper  with  drag  scrapers, 
even  if  they  had  to  be  bought  new  and  their  entire  cost  charged 
against  this  job. 

It  would  have  been  cheaper  yet  to  have  dammed  up  the  old 
channel  and  excavated  a  ditch  8  to  10  ft.  wide,  just  room  enough 
for  scrapers.  The  stream  could  then  be  turned  into  this  ditch 
and  would  widen  it  to  the  required  size  by  natural  erosion. 
Cheaper  material  than  cemented  gravel  could  have  been  borrowed 
for  the  embankment. 

"  Station  Work  "  on  a  Railway  Embankment.  Wilmer  Waldo, 
in  Engineering  and  Contracting,  Dec.  4,  1907.  "Station  work " 
is  excavation  that  is  let  in  small  contracts,  covering  one  or  two 
surveyor's  "  stations "  of  100  ft.  in  length.  A  contract  is  usu- 
ally taken  by  one  or  two  laborers  in  a  gang.  Embankments 
are  built  of  material  taken  from  either  side  of  the  right  of 
way  at  a  distance  of  4  or  5  ft.  from  the  toe  of  the  fill.  No  fur- 
ther restriction  is  made  concerning  borrow  pits  except  that  they 
must  be  connected  by  ditches  for  the  sake  of  drainage. 

"  Station  work  "  is  usually  done  in  places  inaccessible  to  teams 
or  where  stumps  make  team  work  uneconomical.  It  seldom  pays 
where  the  depth  of  cut  or  height  of  fill  exceeds  4  or  5  ft. 

During  the  summer  months  the  custom  among  some  station 
men  is  to  do  their  work  partly  at  night,  laying  off  through  the 
heated  part  of  the  day.  Station  men  are  not  available  in  great 
numbers  in  seasons  of  extreme  heat  or  cold,  preferring  to  follow 
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the  mean  temperature  either  north  or  south.  They  migrate  in 
pairs  and  often  work  in  partnership,  but  it  is  customary  to 
furnish,  separate  estimates  of  equal  value  to  the  two  partners. 
The  contract  and  estimate  system  in  this  work  does, away  with 
a  general  pay  day,  which  keeps  the  majority  of  the  men  work- 
ing all ,  the  time  and  eliminates  the  timekeeper  g,nd  .disagree- 
ments in  regard  to  time.  The  station  man  expects  payment  of 
his  estimate  immediately  upon  completion  and  acceptance,  which 
is  arranged  by  a  draft  on  the  nearest  bank,  unless  it  is  too  far 
away.  If  no  bank  is  available,  the  paymaster  takes  up  all  esti- 
mates due  every  fifteen  days,  or  any  authorized  party  can  take 
them  up  at  any  time  on  the  work. 

In  considering  the  cost  of  this,  work  it  must  be  rememjjered 
that  there  are  general  expenses  to  the  owner  which  .would  not 
enter  into  a  larger  contract  of  the  ordinary,  kind-  -  Cainpa  must 
be  maintained  and  there  must  be  some  one  to  supervise  and  esti- 
mate the  work  of  the  station  men.  The  cost  will  be  less  where 
many  men  are  employed.     -!!•..        ,     , 

The  work  upon  which  the  following  costs  are  based  was  dpne 

in    Southeast  Texas   during   the   months    shown,    and    embraced 

nearly  every  kind  of  material,  the  majority  Off  it  being  in  low 

swampy  country,  subject  to  overflows  in  one  season  and  getting 

very   dry   and   hard   in   others.     A   large   part   of,  it   was  sticky 

clay  where  the  borrow  pits  were  filled  with  grubs,  stumps  and 

roots,  requiring  the  constant  visei  of  a  mattock.     Even  in  places 

where  the  stumps'  are  thick,   if  the  earth   shovels  well   without 

the  use  of  a  mattock  or  any  breaking,  station  work  can  be  done 

cheaper    than  ^the   ordinary   team   work   under   good   conditions. 

Team  work  I, similar  and  adjacent  to  the  station  work  shown  in 

the  tables  was  doneat  ah^average  cost  of  27%,ct.  per  cu.  yd. 

.  '  >  ■  t      ■',-,,  ■    ' . 

WORK  BY  STATION  MEN, 

■  ''    ■  '         Sections  Ito  8 

Total  cu.  yd.  moved ' : 4  800  2 

Average  rate  per  yd. '  u'l 

Average  yd.  moved  per  man  day lo  7 

Maxinjum  yd.  moved  per  man  day : 2o!o 

Minimiiim  yd.  moved  per  man  day  ...; 5^2 

-Nearly  all  the  station  men  made  daily  wages  amounting  to 
more  than  $1.50,  while  one-third  of  them  made  more  than  $2.00, 
one  man  going  up  to  $2.82.  This  man  handled  20  cu.  yd.  per 
day,  i  loading  and  transporting  it  in  a  wheelbarrow.  The  bank 
was  a  low  one,  as  the  cubic  yards  in  a  100-ft.  section  were  onlv 
91.  , 

The  costs  for  station  men  in  Camp  No.  12  were  as  follows: 
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1906.    June,  July,  August,  September,   October,  November, :  December    Janu- 

I                                   ary  to  February  22,  1907. 
To  amounts  paid  station  men — 
48397.2  cu.   yd j  7_5j0  ^5 

To  amounts   paid   labor    for   grubbing,    driving   team,    etc.,   moving"'^ 

and  about  camp    _  j     ggg  qq 


Team    time 


166.80 


Foreman  in  charge  of  wotk  and  camp  620  00 

Superintendent    ..j "."'         g266 

i  1,535.46 
?  9,095:82 

To  amounts  paid  cook  ,..j j     ^^g  jq 

Flunkey ;.. V."\\'.'.]'.'.'.       lOsilB, 

Groceries   ..'. ; J. ; .... i ...... i. . ; 2,046.44 

'  :.■:..  i  2.671.19 

Credit:.., 

By  board  collected  from  station  men  $1,240.05 

Board  "collected  from  labor,  foreman,  coo|k,  etc 763.90 

;  2,003.35 

,    ^  r  '  667,24 

To  interest  on  investment  of  tools,  etc $     347  90 

?10,n0.96 

Cost  per  cu.  yd.  for  grubbing  and  labof  aroiund  camp  '.    piTMIS 

Cost  per  cu.  yd.  for  foreman  arid  superintenident  , Si    0.0141 

Cost  per  cu.  yd.  for  hauling,  etc.,  and  excess  of  coSt'of  m'ess  over  - 

board    collected 0.0173 

Cost  per  yd.  of  .interest  on  invrttment  in  tools,  etc 0.0072 

Average  price  paid  per  cu.  yd.  as  per  crontacts  0.1562 

Total  per  cu.  yd .^.- $0,209 

It  is  of  interest  to  note  that  a  gang  of  laborers,  being  paid  by 
the  day,  working  under  a  foreman,  moved  1,549  cu.  yd.  at  a  cost 
of  $38T.34,  making  a  cost  per  cu.  yd,  of  25  ct.  This  was  4  ct. 
more  than  the  cost  of  the  work  when  let  by  contract  to  the  men. 

Carts.  The  method  of"  hauling  with  one-horse  two-wheeled 
dump-carts  is,  especially  adapted  to  work  i^i  narrow  cuts,  base- 
ment excavations,  and  wherever  the  haul  is  short;  but  in  such 
places  wheel  scrapers  are  ordinarily  better,  unless  the  haul  is 
over  street  pavements.  -  . 

The  great  advantage  that  carts  possess  over  wagons  is  ease  of 
dumping^  (one  man  can  dump  them-)  and  especially  of  dumping 
into  hoppers,  scows,  etc.  The  data  of  Morris,  who  kept  account 
of  tiie  cost  of  moving  150,000  cu.  ydl  of  earth  with  carts,  are  the 
most  reliable  in  print.  In  his  work  one  driver  was  req'nred  for 
each  cart.  Trautwine  erroneously  assumes  that- one  driver  can 
attend  to  four  carts.  For  the  short  hauls  upon  which  carts  are 
ordinarily   used   one   driver   can   attend   to   not   more   than   two 
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single  horse  carts.  Morris  found  the  average  speed  to  be  200  ft. 
a  minute,  and  the  average  load  i/^  cu.  yd.  (bank  measure, 
equivalent  to  0.37  cu.  yd.  place  measure)  on  a  level  haul;  ^  cu. 
yd.  on  steep  ascents,  and  there  were  4  min.  of  "lost  time"  load- 
ing ahd  dumping  each  trip.  As  above  stated,  the  cost  of  picking- 
and  shoveling  average  earth  is  one  hour's  vrages  per  cu.  yd.,  while 
if  earth  is,  looseped  by  .plow  the  cost  of  loosening  is  about  ^^g-hr. 
wages  of  team  and  driver,  and  /the  cost  .of  loading  plowed  earth 
is  %-hr.  wages  of  laborer  per  cu.  yd. 

Upon  these  assumptions,  and  accrediting  a  driver  to  each  cart 
with  an  average  load  of  %  cu.  yd.,  we  have : 

Rule.  To  find  the  cost  per  cu.  yd.  of  plowing,  shoveling,  and 
hauling  "  average  earth  "  with  carts,  add  togetier  these  items; 

■l/20-'hr's.  wages  of  team  and  driver  and  helper  on  plow; 

2/3-hr's.  wages  of  laborer  shoveling; 

l/4-hr*s.  wages  of  cart  horse  and  driver  for  "  lost  time." 

To-wliich  add  %q  hr.'s  wages  of  cart,  horse  and  driver  for  each 
100  ft.  of  haul.  With  wages  of  a  man  at  30  ct.  and  of  a  horse 
at  15  et.  per  hr.,  this  rule  becomes:  To  a  fixed  cost  of  35  ct.  add 
2.25  ct.  per  cu.  yd.  per  100  ft.  of  haul. 


Fig.  6.    Two-Wheeled   Cart  Made  by  John  Deere  Plow  Co. 

If  one-  driver  attends  to  two  carts,  as  is  very  often  the  case, 
the  hauling  item  is  J4o  hr.'s  wages  of  a  man  anJ  two  horses, 
or  1.5  ct.  per  cu.  yd.  per  100-ft.  haul  at  Vages  above  given. 
In  pities  where  streets  are  level,  and  hard,  even  if  not  paved, 
one-horse  carts  holding  %-cu.  yd.  are  used;  furthermore  horses 
travel  faster  than  the  200  ft.  per  mi^{^te  given  by  Morris  on 
railroad,  work,  220  to  250  ft.  a  minute  being  the  speed  at  a  walk 
over  hard  level, roads.  With  large  %-yd.  one-horse  carts  and  one 
driver  to  each  cart,  the  cost  of  hauling  per  cu.  yd.  per  100  ft. 
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is  therefore,  ^45  '""-'s  wages  of  horse  and  driver,  or  1  ct.  per 
cu.  yd.  per  100  ft.  of  haul. 

Cost  with  Carts.  Engineering  and  Contracting,  Jan.  22,  19^08, 
gives  the  following: 

The^job  was  earth  excavation  in  the  construction  of  a  raiU 
road.  A^cut  was  taken  out  with  carts,  which  were  loaded  by 
men  using  short  handled  shovels.  The  work  was  done  in  the 
late  fall  and  early  winter,  when  a  fair  amount  of  rain  fell, 
but  ■  snow  falls  did  not  occur.  At  night  the  ground  froze  to  a 
depth  of  a  few  inches,  and  was  generally  thawed  out  by  the  sun 
during  the  day.  This  made  the  runway  muddy  and  mad^  some  of 
the  shoveling  harder.  The  material  was  red  clay  that  readily 
absorbed  water.     The  average  length  of  the  haul  was  900  ft. 

Tlie  earth  was  loosened  by  picks,  two  pickers  keeping  three 
shovels  going.  Three  men  shoveled  into  a  cart,  two  carts  being 
loaded  at  one  time.  Four  carts  were  used,  one  driver  attejiding 
to  two  carts,  which  he  took  to  the  dump  together.  One  man  on 
the  dump,  with  the  aid  of  the  driver,  dumped  the' carts. 

The  wages  paid  for  a  10-hr.  day  were  as  follows: 

Foreman    $3.50 

l/aborers    ' • "••  I'™ 

Water  boy    : -, •  jJO 

2  carts  and  1  driver   4.50 

The  coat  per  cubic  yard  of  doing  the  work  was : 

Foreman    ?»050 

Picking    ' °-?^" 

ghoveirng •■•••  "ly 

■  Dumping     ""fj 

Water  boy    0«|* 

Hauling      ""P 

■         Total    'O-^S 

The  output  of  this  gang  per  day  was  70  cu.  yd.  This  is  i^. 
high  cost,  as  a  greater  yardage  should  have  been  excavatej-. 
The  pickers  loosened  about  18  cu.  yd.  per  man  day,  while  aboul 
11  cu.  yd.  per  man  day  were  shoveled.  Tie  man  on  the  dump 
took  care  of  70  cu.  yd.  per  day.  A  careful, analysis  of  this  and 
a  comparison  of  costs  of  similar  work  show  that  the  cost  of 
hauling  is  a  little  low,  while  the  other  costs  are  all  high.  This 
leads  to  the  conclusion  that  there  were  not  enough  carts  for  this 
length  of  haul. 

As  the  foreman  was  experienced  and  realized  that  he  was  short 
of  carts,  he  did  all  he  could  to  keep  them  going  continually  and 
loaded  them  as  heavily  as  the  ground  over  which  he  had  to  haul 
would  permit.  The  result  was  that  he  worked  the  horses  harder 
than  they  are  ordinarily  worked,  as  will  be  noticed  from  the  cost 
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of  hauling,  which  was  11  ct.  for  a  distance  of  900  ft.  With  the 
wages  given  above,  the  cost  of  hauling  per  100  ft.  with  carts 
would  be  about  1  ct.,  and  adding  to  this  the  lost  team  time  the 
total  cost  should  have  been  for  a  900-ft.  haul  about  12  or  13 
ct.,  while  the  cost,  as  stated,  actually  was  11  ct.  That  the  fore- 
man did -his  work  well  is  evident  from  the  fact  that  with  a  lack 
of  carta  that  was  bound  to  make  his  men  idle  at  times  waiting 
for  the  carts  to  come  back  from  the  dump,  he  got  an  output  of 
about  11  cu.  yd.  from  his  shovelmen  per  day. 

If  two  more  carts  had  been  used,  the  shovelera  could  no  doubt 
have  loaded  14  cu.  yd.  to  the  man,  and  instead  of  using  only 
three  men  loading  to  the  carts  four  men  could  have  been  em- 
ployed. This  would  have  made  the  output  per  day  112  cu.  yd. 
instead  of  70.  Thus  a  saving  on  the  total  cost  of  nearly  20% 
could  have  been  effected. 

With   the   material   that  had   to   be   excavated,   a  man   could 

readily  loosen  with  a  pick,  by  caving  in  a  bank,  from  25  to  30 

^cu.  yd.  per  day,  and  a  man  could  load  into  a  cart  with  a  shovel 

14  ou.  yd.     The  dumpman  could  easily  have  cared  for  the  112  cu. 

yd.  that  were  sent  to  the  dump. 

The  costs  as  given,  illustrate  in  a  striking  manner  how  one 
detail  of  a  job  that  is  not  properly  managed  can  materially 
increase  the  cost  of  all  the -other  details  and  that  of  the  whole 
job  and  yet  that  parti-cular' cost  may  be  low.  Such  facts  can 
only  be  learned  by  keeping  detail  cost  data  and  then  carefully 
analysing  them. 

High  Cost  of  Railway  Excavation,  with  Sump  Carts.  En- 
gineering and  Controtcting,  Feb.  10,  1909,  gives  the  following 
data : 

The  excavation  was  made  on  the  grade  of  a  railroad  in  taking 
dt:t  several  small  cuts,  there  being  1,743  cu.  yd.  in  the  combined 
cuts.  The  material  was  a  sandy  clay,  and  the  average  haul  was 
500  ft.  The  work  was  done  in  the  fall  of  the  year  with  good 
weather  conditions,  there  being  but  one  rainy  day  during  the 
time.  With  this  class -of  material,  without  any  stones  in  it  and 
the  depth  of  cutting  and  length  of  haul,  the  excavation  was  ideal 
wheel  scraper  work,  but  as  the  railroad  company  did  not  own 
any  scrapers,  it  was  decided  to  hire  carts  and  do  the  work  with 
them. 

The  earth  was  loosened  by  a  plow,  but  the  plowing  was  not 
done  well  enough,  so  that  some  of  the  men  had  to  pick  it.  Nat- 
urally using  a  plow  prevented  the  material  being  worked  to  a 
breast  and  the  carts  were  hauled  over  the  loosened  material. 
This  made  the  hauling  hard  for  the  horses  and  prevented  full 
loads  from  being  carried,  and  also  compacted  the  loosened  mate- 
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rial  somewhat.  An  average  of  17  carts  were  worked  with  58 
men  a"nd  3  foremen.  A  single  foreman  in  charge  of  29  men,  with 
men  and  carts  scattered  over  a  cut,  resulted  in  poor  work.  The 
men  clustered  around  a  cart  and  loaded  it  as  they  would  a 
wagon,  and,  using  short  handled  shovels,  the  amount  of  work 
that  could  be  done  in  a  .  day  was  reduced  over  the  number  of 
cu.  yd.  that  could  be  loaded  into  a  cart  at  the  end  with  the  tail 
gate  out.  With  such  a  large  number  of  men  per  foreman  it  was 
also  possible  for  the  men  to  loaf. 

A  10-hr.  day  was  worked  and  the  following  wages  were  paid: 

Foremen     j2.50 

Laborers    150 

Carts  and  driver 3  00 

Plow    team    9]q0 

The  cost  of  the  work  was  as  follows: 

Foremen    , j     52  50 

Laborers     610,50 

,Cart   work    357.00 

Plowing    ■ 36.00 

Extra  work    11.50 

Total    Jl,067.50 

This  gives  a  cost  per  cu.  yd.  as  follows : 

Foremen     $0,030 

Plowing    0.020 

Laborers 0.350 

Hauling    0.205 

Extra  -work   0.005 

Total    $0,610 

The  extra  work  consisted  of  digging  some  ditches  after  a  rain 
to  drain  off  the  water,  two  foremen  and  12  men  being  engaged 
on  this  for  half  a  day. 

The  very  high  cost  and  poor  work  is  shown  by  the  fact  that  a 
man  only  shoveled  4%  cu.  yd.  of  a  material,  that  could  be  classed 
as  average  earth,  in  10  hr.  A  man  should  have  shoveled,  after 
the  material  was  loosened,  14  cu.  yd.  in  10  hr. 

If  scrapers  had  been  used  the  cost  per  cu.  yd.  should  not  have 
exceeded  25  ct. 

Types  of  Wagons.  A  series  of  articles  appearing  in  Engineer- 
ing and  Contracting,  Feb.  3  to  Apr.  14,  1909,  describes  the  various 
types  of  wagons  and  name  of  manufacturers  on  the  market  at 
that  time  at  considerable  length.  A  brief  abstract  of  these  ar- 
ticles is  here  given. 

The  first  style  of  wagon  used  for  earth  transportation  was  the 
kind  now  found  in  common  use  on  farms.  This  wagon  consists 
pf  the  ordinary  running  gear  with  front  and  back  wheels  con- 
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nected  by  a  coupling  pole  and  with  wheels  having  2-in.  tires.  The 
body  is  fi  rectangular  box  made  of  1-in.  planed  boards  fcound 
on  top  with  strap  iron.  The  difficulty  of  dumping  this  wagon 
led  to  cutting  holes  in  the  ibottom  which  were  covered  with 
boards.  These  were  lifted  with  a  pick,  spilling  part  of. the  load 
and  leaving  holes  through  which  the  rest  could  be  easily  shov- 
eled. 

The  idea  of  dumping  through  the  bottom  brought  into  use  the 
slat  bottom  _  wagon.  This  consisted  of  the  same  style  running 
gear.  On  the  bolsters  2-  by  4-in.  scantlings  were  placed  to  make 
the  bottom  of  the  wagon  body;  12-  to  14-in.  boards  were  used 
for  the  sides  of  the  body.  Bottom  and  side  boards  were  worked 
down  at  their  ends  with  a  draw  knife  so  as  to  offer  a  convenient 
grip.  The  wagon  was  dumped  by  the  driver  and  dumpman  lift- 
ing these  boards  one  by  one.     Dumping  required  about  3   min. 

The  running  gear  of  farm  wagons  being  found  too  light  for 
continuous  use  with  heavy  loads  of  earth,  heavier  running  gear 
with  3-  and  4-in.  tread  tires  was  made  for  use  on  construction 
work.  For  many  years  this  heavy  running  gear  with  the  slat 
bottom  body  was   the  standard   wagon   for   earth  work. 

Bottom  Dump  Wagon.  The  slat  bottom  wagon  has  been 
largely  replaced  by  various  patent  self-Jumping  wagons  of  which 
the  bottom  dump  forms  the  largest  class.  The  bottoms  of  these 
wagons  consist  of  two  hinged  doors  which  are  usually  held  in 
place  by  chains  and  are  released  to  dump  the  load.  They  are 
built  of  wood  and  steel,  in  capacities  of  from  1  to  5  cu.  yd. 
The  front  wheels  go  under  the  body,  making  it  possible  for  a 
team  to  turn  in  its  own  length.  Mechanism  is  provided  by  means 
of  which  the  driver  can  close  the  hinged  bottom  while  the  wagon 
is  in  motion. 

End  Dump  Wagons  can  be  divided  irfto  two  divisions,  namely 
those  with  tail  gates  and  those  without  tail  gates.  Those  with- 
out tail  gates  generally  have  the  bodies  built  of  steel,  and  the 
body  is  built  of  such  a  shape  that  the  load  is  discharged  by 
gravity  when  the  wagon  bed  is  tilted  for  dumping.  One  advan- 
tage that  this  style  of  wagon  possesses  is  that  none  of  the  load 
can  spill  or  leak  out  unless  too  much  of  a  load  is  placed  on  the 
wagon.  This  style  of  wagon  is.  not  often  used  for  earth  exca- 
vation as  the  wagon  is  quite  heavy,  and  owing  to  the  shape 
that  is  given  it,  so  it  will  dump,  its  carrying  capacity  is  reduced. 

Those  with  tail  feates  are  used  for  earth  transportation,  and 
several  styles  of  this  class  of  wagon  are  in  common  use  in  New 
York  City.  For  dumping  into  hoppers  or  bins,  and  through 
chutes,  or  onto  scows  and  barges  or  into  railroad  cars  they  are 
better  adapted  than  bottom  dump  wagons,  as  the  horses  can  be 
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backed  up  to  the  dumping  place.  For  the  above  listed  classes 
of  work  and  for  dumping  on  piers  and  wharves  this  style  of 
wagon  is  well  adapted. 

In  loading  wagons  by  hand  the. height  of  the  wagon  body  is  of 
great  .consideration.  Every  inch  additional  height  decreases  in 
the  amount  of  earth  that  a  man  can  load  in  a  day. 

The  height  of  the  top  of  the  sides  of  the  ordinary  dump  wagon, 


Fig.  7.     Bottom  Dump  Wagon  Made  by  the  Watson  Wagon  Co. 

of  1  cu.  yd.  or  1%  eu.  yd.  capacity,  is  from  4.5  to  5  ft.  A  man 
at  this  height  will  shovel  with  a  short  handled  shovel  about  1.3 
cu.  yd.  in  10  hr.  Over  this  height  to  increase  the  height  of  the 
sides  of  the  wagon  by  6  in.  decreases  the  aiho.  nt  shoveled  per 
man  day  by  about  10%.  The  reason  for  this  is  that  in  order  to 
cast  the  earth  into  the  wagon  the  man  must  first  straighten  up 
his.  back,  after  he  has  filled  his  shovel,  and  then  by  another  mo- 
tion he  casts  his  load  into  the  wagon.     With  long  handled  shovels. 


Fig.  8.     End  Dump  Wagon. 

in  average  earth  or  good  clay,  men  have  been  known  to  load  into 
wagons  between  14  and  15  cu.  yd.  in  10  hr.,  and  to  increase  the 
height  of  the  wagon  6,  in.  decreased  the  amount  loaded  per  man 
day  by  about  7%,  until  the  height  reached  8  ft. 
'  Special  Dump  Wagons.  One^of  these,  the  in\'eiition  of  George 
Penine  and  D.  L.  Hough,  was  used  in  the  building  of  ths  Penn- 
sylvania R.  R.  tunnels  under  New  York  City.     A   large  derrick 
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skip  made  in  two  sections,  which  were  hinged  at  the  top  and 
fitted  with  latches  at  each  end  near  the  bottom,  was  used  in  the 
tunnels  on  trucks  as  the  body  of  a  car.  This  was  hoisted  to  the 
surface.  On  the  street  Ifevel  the  skip  was  placed' on  a  wagon, 
thus  becoming  a  wagon  body.  At  the  dump  the  skip  was  dumped 
into  a  scow  by  a  derrick,  a  light  rope  being  used  to  trip  it  in 
dumping.     The  capacity  of  the  skip  was  3  cu.  yd. 

Similarly  on  the  Illinois  tunnels  in  Chicago  a  wagon  invented 
by  Wm.  J.  Newman  was  used  to  carry  spoil  to  the  dump.  The 
body  of  the  wagon  was  a  square  box  made  'qf  steel  and  was 
picked  up  from  the  running  gear  by  a  derrick  and  Taised  over  the 


Fig.    9.     Center   Dump   Wagon   Made  by  Russell    and   CJompany 
Capacity  8  to  10  Tons. 


stock  pile  where  the  bottom  of  the  box -dropped  down,  spilling  the 
load. 

Another  type  pf  wagon,  requiring  a  machine  to  dump  it,  is 
made  by  the  Bergen  Point  Iron  Works,  149  Broadway,  N.  Y. 
Not  being  required  to  clear  a  dumped  load,  it  can  be  built  very 
low.  Side  dump  wagons  are  made  with  the  body  mounted  on 
trunnions  and  can  be  dumped  to  either  side. 

Dump  Boxes.  In  addition  to  the  various  types  pf  duny)  wagons, 
dimip  boxes  are  made  by  some  manufacturers  that  can  be  used 
on  the  running  gear  of  any  heavy  wagon.  Such  boxes  are  made 
in  capacities  of  11^  and  2  cu.  yd.  and  weigh  about  650  lb. 

The  Use  of  Dump  Boxes  Handled  hy  Derricks  is  discussed  in 
Engineering  cmd  Contracting,  March  24,  1909,  as  follows: 

There  is  a  much  greater  field  of  usefulness  for  dump  boxes, 
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than  either  manufacturers  or  contractors  ordinarily  suspect, 
as  there  is  no  reason  why  they  should  not  be  treated  as  skips 
and  be  handled  by  derricks,  locomotive  cranes,  or  cableways,  and 
thus  loaded  and  dumped. 

Under  the  head  of  special  wagons  we  have  referred  to  the  New- 
man wagon  or  car  as  u?ed  in  Chicago.  Any  dump  box  with  the 
proper  dumping  device  and  lever  on  it  can  be  used  in  a  similar 
manner. 

The  first  dump  box  to  be  so  used,  to  the  best  of  our  knowledge, 
was  the  Chicago  Quick  Dumper.  On  the  new  depot  in  Chicago, 
being  built  by  the  Chicago  &  Northwestern  Ry.,  the  Bates  & 
Rogers^  Construction  Co.  being  .the  contractors,  the  sand  and 
gravel  for  concrete  is  hauled  in  these  diunp  boxes;    A  large  hop- 


Pig.   10.    Dump  Box  Made  by  the  Baker  Mfg.  C6. 


per  is  built  over  the  mixing  plant.  The  load  is  driven  up  to  the 
hopper  and  a  bridle  attached  to  a  derrick  is  hooked  pnto  the 
box,  which  is  raised  over  the  hopper  and  dumped,  after  which  it' 
is  returned  to  the  gear.  It  is  stated  that  only  one  minute  is 
consumed  in  raising,  dumping  the  box  and  returning  it  to  the 
gear.  ' 

One  of  the  editors  of  this  journal  timed  a  Newman  wagon  in 
unloading  onto  a  large  stock  pile  and  with  three  men  to  hodk' 
on  the  bridle  a  box  was  unloaled  and  returned  to  the  wagon  or 
car  every  1%  min.  These  boxes  were  of  3  cu.  yd.  capacity,  as 
were  the  Chicago  Quick  Dumper  boxes.  The  bridle  used  is  shown 
by  the  accompanying  sketch,  and  can  be  made  at  any  shop.  Four 
pieces  of  steel  Witli  eyes  in  them  to  receive  the  hooks  on  the 
bridle  must  be  fastened  to  the  dump  box. 
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In  excavating  cellars  and  sitnllar  deep  pits,  these  boxes  could 
be  used  in  connection  with  derricks  to  eliminate  the  steep,  hard 
pull  from  the  pit  or  cellar  and  save  the  use  of  a  snatch  team, 
as  by  having  several  extra  boxes  they  could  be  lowered  by  the 
derrick  and  loaded  ready  to  be  placed  on  the  wagon  when  It 
returned  with  an  empty  box  from  the  dump.  This  would  mean 
less  delay  to  the  wagon  than  when  loaded  by  other  means.  In 
loading  these  boxes  they  could  be  placed  near  abreast  and  ma- 
terial^ caved  directly  into  the  box.  Other  material  could  be 
shoveled  into  the  box  easily,  as  the  sides  are  low. 


fnifr-  Contr 
Pig.  11.     Sling  for  Handling  Dump  Wagon  Bodies  with  Derricks." 


Wagon  Work.  There  are  two  sizes  of  wagon  boxes  for  two- 
horse  slat-bottom  wagons  which  are  still  used  by  contractors 
to  a  considerable  extejit;  the  small  box  3  ft.  Vide,  9  ft.  long, 
and  12  in.  deep  inside  measure;  and  the  large  box  with  sides 
4  to  6  in.  deeper.  The  small  box  holds  just  I  cu.  yd.  strupk 
measure  of  loose  earth,  which  is  equivalent  to  about  0.8  cu. 
yd.  measured  in  cut;  and  this  is  all  that  a  team  can  haul  over 
temporary  or  soft  roads  such  as  are  encountered  in  railroad,  res- 
ervoir work,  or  the  like,  where  steep  uphill  pulls  are  common. 
Cole  (see  Gillespie)  gives  the  average  load  at  %  cu.  yd.  place 
measure,  on  canal  work  that  he  was  in  charge  of.  In  city 
work,  and  generally  in  any  road  improvement  work,  where  the 
roads  are  hard  earth,  even  though  there  may  be  occasional  short 
level  pulls  at  each  end  of  the  haul  through  plowed  earth,  the  large 
wagon  box  may  be  used  with  a  load  varying  from   1.25  to   1.5 
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cu.  yd.  place  measure;  the  average  given  in  the  Seventh  Annual 
Mass.  Highway  Comr'a  Report  was  1.4  cu.  yd. 

The  average  speed  of  a  team  walking  steadily  over  hard  roads 
with  a  large  load,  and  returning  at  a  walk  empty,  is  about 
214  miles  an  hour,  or  220  ft.  a  minute.  If  there  are  any  delays 
in  loading  or  unloading,  a  team  can  usualjy  ipake  up  for  such 
delays  by  trotting  back  at  4  or  5  miles  an  hour,  if  the  roads  are 
'  hard  and  level ;  so  that  where  engineers  often  criticise  contractors 
who  appear  to  be  losing  money  when  £eams  are  standing  idle, 
the  truth  may  be  that  the  team  is  daily  covering  its  20  miles  on 
earth  roads  to  25  miles  on  paved  roads — :all  that  can  be  expected 
anyway.  Thus  with  a  haul  of  1.25  miles  or  more  from  a  sand 
pit,  it  does  not  pay  to  employ  shovelers  to  load  the  wagons,  for 
each  driver  can  load  his  own  wagon  in  52  min.  with  1.33  cu. 
yd.  of  sand.  The  driver  then  gets  a  long  rest  while  the  team 
works;  and  by  trotting  the  team  back  it  will  cover  20  to  25  miles 
in  the  day,  unless  it  happens  that  the  length  of  haul  is  such  that 
an  even  number  of  round  trips  cannot  be  made  in  the  8  or  10 
hr.  available.  Where  the  hauls  are  long,  contractors  should 
liear  this  last  fact  in  mind,  otherwise  it  may  transpire  that  the 
hauling  will  cost  some  20%  more  than  is  estimated,  unless 
■  the  teams  can  be  used  in  plowing  or  otherwise  for  an  hour  or  so 
daily,  to  piece  out  the  full  day.  Ordinarily  15  to  30  min.  are 
lost  each  morning  in  waiting  to  be  loaded. 

Where  the  hauls  are  0.5  mile  to  1.25  miles,  one  man  in  a  sand 
pit  to  help  the ,  drivers  Joad  is  all  that  is  needed  for  economy. 

On  short  hauls,  under  favorable  conditions,  the  method  of  using 
extra  wagons  is  especially  to  be  recommended.  The  extra  wagons 
are  left  in  the  pit,  and  one  or  more  men  load  them  while  the 
team  is  gone;  upon  its  return,  the  teamster  changes  from  the 
empty  to  the  loaded  wagon  in  about  1.5  min.  By  this  method 
both  shovelers  and  teamsters  are  in  a  treadmill,  where  it  is  .easy 
to  fix  responsibility  for  loafing,  so  that  one  foreman,  or  even  no 
foreman  at  all,  is  needed  for  consj&nt  s-ipervJsion  of  both 
gapgs.  This  plan  is  good  also  where  hauls  are  long  and  oyer 
soft  roads  where  teams  cannot  trot  back  making  up  for  lost 
time. 

Where  teamsters'  unions  exist,  as  in  some  cities,  teamsters 
will  frequently  refuse  to  da  any  shoveliflg  at  all.  Unless  team- 
sters are  distinctly  given  to  understand  at  the  start  that  they 
must  shovel  when  ordered,  and  must  use  the  kind  of  wagon 
box  designated  by  the  contractor,  there  may  be  a  strike  unless 
wx)rk  is  scarce. 

A  contractor  should  always  be  guarded  in  counting  upon  any 
money-saving  methods  wherever  he  finds  wages  are  high;  for  high 
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wages  generally  indicate  a  scarcity  of  men,  which  in  turn  means 
that  they  will  leave  at  the  slightest  provocation.  While  well- 
paid  men  are  the  most  cheerful  workers,  a  rising  labor  market 
breeds  an  indepeniience  among  the  laborers  that'  makes  it  often 
impossible  to  secure  a  fair  day's  work.  For  example,  well-paid 
teamsters  had  been  hauling  1.25  eu.  yd.  of  stone  over  hard  earth 
roads  and  steep  grades,  but  upon  changing  them  to  level  ma- 
cadam roads  they  refused  to  haul  any  greater  loads,  despite  the 
fact  that  with  no  greater  eicertion  a  team  could  haul  2.S  cu.  yd. 
Nothing  but  the  purchase  of  a  few  steams  by  the  contractor  pre- 
vented a  strike,  and  secured  proper^  loading. 

It  is  human  nature  apparently  to  "  make  the.  job  last,"  although 
it  is  a  mistaken  economy  in  the  end  to  do  so.  Dishonest  team- 
sters will  frequently  pull  out  one  of  the  bottom  slats  of  their 
wagon,  and  drop  the  side  boards  so  that  the  wagon  will  hold 
about  %  cu.  yd.  less  than  it  is  supposed  to.  Binding  chains 
around  the  body  are  often  drawn  up  so  tight  as  to  pinch  the 
top  of  the  side  boards  in  6  in.  The  seat  may  not  be  removed  in 
loading,  leaving  a  large  unfilled  space  at  the  front  end  of  the 
wagon.  An  inexperienced  or  inefficient  foreman,  by  not  guard- 
ing against  these  things,  will  cost  his  employers  several  times 
his  salary. 

'  Large  wagon  boxes  should  be  used  wherever  possible,  and 
occasionally  it  may  pay  to  have  a  "  snatch  team "  ( an  extra 
team)  to  get  a  load  out  of  the  pit,  or  over  steep  hills;  but  a 
snatch  team  never  pays  where'  the  haul  is  much  less  than  % 
mile.  Where  the  hauls  are  very  long,  teams  can  travel  in  pairs 
alid  upon  coming  to  a  steep  grade  can  help  one  another  over  it, 
each  acting  in  turn  as  the  snatch  team  for  the  other. 

As  another  expedient  for  increasing  the  size  of  wagon  loads 
there  is  the  use  of  a  three-horse  team,  three  horses  being  worked 
abreast;  thus  the  fixed  expense  of  the  driver  is  reduced  by  one- 
third,  since  a  load  fully  50%  greater  can  be  hauled  by  three 
horses  than  by  two.  Th^e  horses  cannot  pull  exactly  together, 
but  this  is  made  up  for  by  the  decrease  in  the  proportionate  dead 
load  of  the  wagon,  and  by  the  decrease  in  the  coefficient  of  fric- 
tion under  greater  wheel  loads. 

In  the  far  West  two  teams  are  often  hitched  to  one  wagon, 
driven  by  one  man;  but  it  is  not  easy  in  the  East  to  find  "  four- 
up  "  drivers. 

Rule.  To  find  the  cost  per  cu.  yd.  of  average  earth  moved 
in%-cu.  yd.  wagons,  add  tke  following  items: 

%o  hr.'s  wages  of  team  with  driver  and  helper  plowing; 
%  hr.'s  wages  of  laborer  shoveling; 
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^  hr.'a  wages  of  team  with  driver,  'Most  time"; 
1^5  hr.'s  wages  of  laborer  dumping  wagons. 

Then  add  finally  %o  hr.'s  wages  of  team  with  driver  for  each 
100  ft.  of  haul.  With  wages  of  man  at  30  ct  and  of  team  with 
driver  at  60  ct.  per  hr.  this  rule  becomes:  To  a  fixed  cost  of 
35  ct.  t)er  cu.  yd.  add  1.2  ct.  per  cu.  yd.  for  each  100  ft.  of  haul 
over  soft  earth  roads ,  with  steep  ascents. 

If  the  road  is  hard  earth  and  fairly  level,,  a  1.5  cu.  yd.  load 
may  be  hauled;  then  the  hauling  cost,  exclusive , of  loading,  etc., 
is  0.6  ct.  per  cu.  yd.  per  100  ft.  of  haul. 

The  "  haul  "  is  to  be  measured  along  the  road  from  pit  to 
dump,  one  way  only. 

Work  of  Teams.  A  "  team,"  as  used  in  this  book,  means  a  pair 
of  horses  and  their  ,  driver.  EJven  where  the  word  driver  ^s 
omitted  in  speaking  of  the  cost  of  team  work,  the  wages  of  the 
driver  are  always  included  under  the  word  "team." 

A  good  average  team  is  capable  of  traveling  20  miles  in  10  hr., 
going  10  miles  loaded  and  returning  10  miles  empty,  over  fairly 
hard  earth  roads.  If  the  team  is  traveling  constantly  over  soft 
ground,  15  miles  is  a  good  day's  work.  On  the  other  hand,  if  the 
team  is  traveling  over  good  gravel  or  macadam  roads,  or  paved 
streets,  it  is  possible  to  average  25  miles  per -10-hr.  day.  These 
rates  include  the  occasional  stops  made  for  rests,  etc.,  and  include 
the  climbing  of  an  occasional  hill. 

When  traveling  at  the  rate  of  2:^  miles  an  hour,  which  is  the 
ordinary  walking  gait  of  horses,  the  distance  covered  in  1  min.  is 
220  ft.  Over  good  hard  roads  a  team  may  trot^jvith  an  empty 
wagon  at  the  rate  of  5  miles  per  hr.,  and  thus  make  up  for  delays 
in  loading  and  unloading,  so  as  to  cover  the  full  20  miles  qf  daily 
work;  but  over  soft  ground  a  team  should  not  trot.  , 
■  The  loads  that  a  team  can  haul  (in  addition  to  the  weight  of 
the  wagon)   over  different  kinds  of  roads  are  as  follows: 

'  Earth 

Short  tons  cu,  yd. 

.      .     I  Very  poor  earth  road   1-0             ,  0.8     _ 

Poor  earth  road 1.25  1.0 

Good  ha*d   earth'  road 2.0  1.6 

Grood .  clean  macadam  road   3.0  2.^       , 

It  is  not  possible  to  haul  much  greater  loads  over  an  asphalt  or 
brick  pavement  than  over  a  first-class,  clean  macadam.  On  all 
the  kinds  of  roads  to  which  the  above  averages  apply,  there  may 
be  occasional  steep  grades  to  ascend,  and  occasional  bad  spots 
to  pass  over. 

The  pulling  power  of  a  horse  averages  about  one-tenth  of '  his 
weight  when  exerted  steadily  for  10  hr. ;  that  is,  a  1,200-lb.  horse 
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will  exert  an  average  pull  of  120  lb.  on  the  traces.  But  for  a 
short  space  of  time  the  horse  can  exert  a  pull  ( if  ■  he  has  a  good 
foothold)  equal  to  about  four-tenths  his  weight,  that  is,  four 
times  his  average  all'day  pull.  This  I  have  tested  with  teams, 
not  only  in  ascending  steep  grades  but  in  lifting  the  hammer  of  a 
horse-operated  pile  driver. 

Where  teams  are  traveling  long  distances,  it  is  customary  to 
have  two  wagons  keep  together,  so  that  one  team  can  help  the 
other  up  a  steep  hill  by  acting  as  a  "  snatch  team."  A  "  snatch 
team,"  or  helping  team,  may  often  be  kept  busy  to  advantage  in 
pulling  heavily  loaded  teams  out  of  a  pit,  or  onto  a  soft  em- 
bankment, or  up  a  steep  grade.  ,  Three-horse  snatch  teams  are 
frequently  used.  A  small  hoisting  engine  may  replace  a  snatch 
team  to  advantage  in  many  places.  By  laying  channel  irons  for 
rails  up  a  steep  hill,  and  having,  a  hoisting  engine  at  the  top, 
very  heavy  loads  can  be  assisted  over  bad  roads.  In  this  case, 
a  boy  mounted  on  a  pony  can  drag  |the  hoisting  rope  back  to 
the  foot  of  the  hill  ready  for  the  next  team.  Plank  roads  can 
often  be  built  to  advantage  for  short  distances  up  steep  grades, 
or  over  bad  spots. 

In  the  far  West  it  is  customary  for  three  or  more  teams  to  be 
hitched  to  a  train  of  two  or  more  wagons;  and,  when  a  steep  hill 
is  to  be '  ascended,'  to  haul  one  wagon  up  at  a  time.  This  saves 
wages  of  drivers. 

See  Gillette's  "  Handbook  of  Cost  Data "  for  further  informa- 
tion on  the  work  of  teams  and  on  the  cost  of  detail  feeding  and 
maintaining  horses  and  mules. 

TJse  of  Snatch  Teams.  When  wagon  teams  have  to  go  up  heavy 
grades,  as  from  cellar  excavations  and  deep  pits,  or  even  on 
hilly  roads  a  snatch  team  should  be  used  to  assist  the  regular 
team".  It  must  be  remembered  in  all  hauling,  that  the  heaviest 
grade  on  the  road  or  runway,  sets  the  limit  on  the  size  of  the 
load,  hence  in  most  hauling  and  especially  in  hauling  excavated 
material,  the  use  of  a  snatch  team  means  the  increasing  of  the 
regular  loads  hauled,  thus  reducing  the  cost  of  transportation. 
Many  contractors  use  a  three-horse  snatch  team,  and  as  a  rule 
for  wagon  work  such  a  team  is  better  than  two  horses,  but  for 
most  work,  the  writer  prefers  a  four-horse  snatch  team,  worked 
in  two  pairs.  Such  a  team  with  a  limited  number  of  wagons 
means  a  larger  load  hauled  without  fatigue  to  the  wagon  team, 
and  with  a  large  number  of  wagons,  it  frequently  happens  that 
two  wagons  are  loaded  at  about  the  same  time,  when  the  four- 
horse  team  can  be  divided  into  two  snatch  teams  and  the  two 
loads  are  started  to  the  dump  without  waste  of  time.  Then,  too, 
with  a  four-horse  team,  two  of  the  horses  can  be  used  as  a' load 
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team  for  the  plow,  having  only  two  horses  on  the  plow  regu- 
larly. Four  horses  may  be  needed  on  the  plow  to  break  the 
ground  for  the  first  plowing,  but  the  second  time  the  material 
IS  plowed,  only  two  horses  need  be  used,  dispensing  with  tlJe 
load  team,  which  can  be  again  joined  to  Jhe  snatch  team. 

The  four-horse  snatch  team  is  well  adapted  to  do  this  kind  of 
work  when  three  horses  are  used  on  the  wagons.  Most  contrac- 
tors work  only  two  horses  on  their  wagons,  and  the  writer  be- 


^ 


g^rH^ 


•  ■  •.•.-•;  •.•■  .:-■•'.•...-.•;-:.•.•  ..•.•■•■•.■•■.••.•.••.•:■.•,■  ^    ^^^^ 
Fig.  12.     Roadway  for  Contractor's  Wagons. 

lieves  that  this  is  a  mistake.  Most  of  the  coal  dealers  in  our 
larger ' cities  hiave  learned  that, much  better  work  is  done  by  a 
three-horse  team  than  with  two,  and  to-day  it  is  a  common 
sight  to  see  three  horses  hitched  to  a  coal  wagon.  The  same 
principle  applies  to  a  contractor's  hauling.  In  keeping  the 
reeiords  of  many  thousand  loads  of  earth  hauled  in  bottom  wagons 
of  1%  and  2  cu.  yd.  capacity,  it  was  found  that  the  average  load 
hauled  with  two  horses  was  1  cu.  yd.,  place  measurement.     With 
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three  horses  even  with  a  2  cu.  yd.  capacity  wagon  a  load  from 
Wi  to  1%  cu.  yd.  could  be  hauled  and  on  good  roads  or  streets 
with- a  larger  capacity  wagon  a  larger  load  could  be  carried. 
The  dead  weight  would  remain  nominally  the  same,  the  extra 
load  being  entirely  of  the  inaterial  being  hauled.  The  increased 
cost  is  the  hire  of  an  extra  horse,  or  the  expense  of  feeding  and 
caring  for  this  horse.  Thus  with  the  cost  of  a  horse  at  $1.00 
per  day  and  a  driver  at  $1.50  per  day,  the  cost  of  a  three-horse 
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'"^l      Fig.  13;    Plan  of  Movable  Hopper. 

team,  making  an  allowance  of  25  ct.  for  the  wagon,  is  $4.75 
against  $3.75  for  a  two-horse  team.  Thus  with  a  two-horse  team, 
'hauling  10  cu.  yd.  per  day,  at  a,  cost  of  37.5  ct.  per  yd.,  a  three- 
horse  team  will  haul  15  cu.  yd.  at  a  cost  of  31.7  ct.  per  cu.  yd. 
Special  Wagon  Track.  A  track  of  I  beams  and  timbers  was 
used  on  the  soft  fill  at  .Grant  Park,  Chicago;  This  device  was 
patented  by  Mr.  W.  J.  Newman.  It  is  illustrated  in  Fig.  12, 
which  is  taken  from  Engineering  News,  Aug.  24,  1905^ 
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A  Movable  Hopper  for  Excavated  Material.  When  excavated 
material  must  be  removed  rapidly  in  wagons  because  of  the  lack 
of  space  and  facilities  for  storing  it,  and  when  the  machinery 
or  the  work  is  of  such  character  that  it  is  not  possible  or  eco- 
nomical to  cease  working  when  wailing!  for  wagons,  a  storage  bin 
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Fig.  14.     Section  A-A  of  Movable  Hopper. 

is  advisable.  Such  U  bin  was  used  to  store  sand  excavated  frojn 
the  foundation  caissons  of  the  New  York  Municipal  building. 
It  was  described  and  illustrated  by  Mr.  Maurice  Deutsch,  in  the 
Hchool  of  Mines  Quarterly,  Nov.,  1910.  See  Figs  13-15.  Another 
movable  hopper  for  use  with  derricks  is  described  in  Chap. 
XII. 
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A  Wagon  Gravel  Screen  is  illustrated  in  Fig,  16.  This  de- 
vice was  designed  by  Mr.  H.  S.  Earle,  Highway  Commissipner 
of  Michigan.  In  operation  the  bank  mixture  of  sand  and  gravel 
is  thrown  across  the  wagon  onto  the  screen;  the  sand  drops 
through  the  meshes  and  the  gravel  falls  into  the  wagon.  In 
order  to  obtain  a  proper  mixture  of  sand  and  gravel,  it  may  be 
necessary  to  throw  a  certain  number  of  shovelfuls  as  1  in  3  or 
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Fig.  15.    Section,  b-e  of  Movable  Hopper. 

4,  directly  into  the  wagon.  The  Fig.  is  taken:  from  Engineering 
and  Contracting,  Aug.  18,  1909. 

A  similar  device  with  the  addition  of  a  target  on  the  screen 
is  shown  in  Fig.  17.  This  does  away  with  having  to  throw 
material  across  the  wagon  and  so  keeps  the  material  cleaner  and 
lightens  labor.  The  addition  of  the  target  is  suggested  by  F.  M. 
Hough  in  Engineering  N eu-s-Record,  Aug.  16,  1917 

Car  Side  Wagon  Loaders,  or  "  Skip  Loaders."  These  are  of  in- 
terest  to  every  owner  of  hauling  equipment.     One  or  two  men  left 
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in  a  car  of  sand,  broken  stone,  etc.,  can  charge  the  wagon  loaders 
in  the  absence  of  the  teams;  thus  no  time  is  lost  by  teams  waiting 
to  be  loaded  at  the  car. 
The  Lee  tilting  wagon  loader  consists  of  a  set  of  folding  stand- 
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Fig.  16.    Device  for  Screening  Gravel  Used  with  Slat  Bottom 
Dump  Wagon. 


Pig.  17.    Target  Attachment  for  Gravel  Screen. 

ards  of  any  length  desired  supporting  a  tilting  bucket  of  1.5,  2, 
2.5,  or  3~cu.  yd.  capacity.  Dumping  is  accomplished  by  means 
of  levers  operated  by  one  man  on  the  car. 

Several  other  makes  of  car  side  loaders  are  available.     Most 
of  these  are  designed  to  be  attached  to  the  side  of  the  car  to  which 
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they  doubtless  impart  a  load  that  the  car  was  never  designed  to 
sustain. 

Fig.  20  shows  a  car  side  wagon  loader  made  by  the  Heltzel 
Steel  Form  and  Iron  "Co.  of. Warren,  Ohio. 

Air  Jet  Used  to  Load  Wagons  from  a  Hopper.  Engineering 
and  Cnntracting,  July  15,  1908,  gives  the  following: 

In  excavating  the  foundations  for  the  Hudson  Terminal  Build- 
Tings,  the  material  was  loaded  into  a  bucket  suspended  from  a 
carriage  that  ran  on  an  I-beam.     The  bucliet  was  run  over  a  hop- 


Fig.  18.     Lee  Tilting  Wagon  Loader. 


per,  into  which  it  discharged  its  load.  Wagons  were  loaded  from 
the  hopper.  The  excavated  material  consisted  of  stiff  wet  clay 
and  quicksand. 

The  water  from  the  quicksand  puddled  the  clay  and  compacted 
it  so  solidly  that  when  the  sliding  door  at  the  bottom  of  the 
hopper  ( see  illustration )  was  opened  to  discharge  the  material 
into  a  waiting  wagon  below,  the  clay  arched  itself  arid  it  would 
not  slip  by  gravity.  This  made  it  necessary  to  keep  three  to 
four  men  on  a  platform  over  the  hopper  to  cut  the  material  out 
by  poking  it  with  heavy  slice  bars.  To  load  a  2-cu.  yd.  wagon 
in  this  manner,  took  about  10  min.,  there  seldom  being  loaded 
more  than  60  loads  a  day  from  one  hopper. 

It  was  accordingly  decided  to  try  an  air  jet  to  relieve  these 
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conditions.  A  pipe  was  "run  from  the  compressor  plant,  and  a 
valve  placed  on  it  convenient  to  the  platform  on  vfhich  the  men 
worked.  A  hose  was  attached  to  the  pipe  and  at  the  end  of  the 
hose  a  piece  of  1-in.  pipe  4  or, 5  ft.  long  was  fastened.  This 
short  piece  of  pipe  was  run  down  into  the  dirt  and  when  a  wagon 
was  ready  to  be  loaded  the  air  was  turned  on.  The  air  caused  the 
earth  to  slide  and  the  wagon  was  quickly  loaded. 

The  number  of  teams  were  at  once  increased  and  in   10  hr. 
from  100  to  120  wagons  were  now  loaded  at  a  single  hopper.     The 


Fig.  19.    Insley  Carside  Hopper. 


largest  day's  work  was  143  wagons  loaded  in  a  day  at  each  hop- 
per, or  429  at  the  three  hoppers.  At  times  as  high  as  20  wagons 
were  loaded  in  an  hr.,  being  at  the  rate  of  one  every  3  min. 

Only  one  man  was  needed  at  the  hopper,  thus  saving  the  labor 
of  nine  men  for  the  three  hoppers.  A  2-in.  pipe  ran  from  the 
compressor  with  air  at  80  lb.  •  - 

Bumping  Wagons  with  a  Derrick.  Engineering  News,  June 
17,  1915,  gives  an  account  of  an  unusual  method  of  unloading 
wagons  in  back-filling  a  pier  of  the  Detroit-Superior  viaduct  in 
Cleveland,  Ohio.  The  horses  were  unhitched,  the  loaded  wagon 
was  hooked  to  slings,  lifted  by  a  derrick  and  swung  out  over  the 
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CARRIACX   CABLE. 


S2AIR  PIPE 
I'AIR  PRE55. 


Fig.  21.     Arrangement  for  Loading  Wagons  with  Air  Jet. 

flu  by  a  derrick.  A  man  i;idi)ttg  the  wagon  dumped  it  at  the 
proper  time. and  returned  with  it  to  land. 

:  fnUlscellaneous  Data  on  Handling  Earth  with  Wagons.  J.  M. 
iBrown,  in  the  .Transactions  of  the  Iowa  Society  of  Engineers, 
1885,  gave  the  following: 

The  earth  was  Iowa  surface  soil  excavated  to  make  a  railroad 
embankment.  Two-horse  wagons  holding  1.6  cii.  yd.  were  used 
when ,  hauls  became  SQO  ft.  or  <more ;  for  shorter  hauls  wheel 
scrapers  were  used»  There  were  five  to  seven  shovelers  to  load  a 
wagon,  each  man  shoveling  15  to  20  cu.  yd.,  average  17  cu.  yd. 
per  day, of  10  hr..    For  an  800-ft.  haul  the  force  used  was: 

1  plow  team,  driver  and  man  holding  plow. 
21  shovelers   (3  gangs  of  7  each). 
9  wagons  (3  gangs  of  3  each). 
1  foreman. 

The  earth  moved  by  this-  force  was  360  cu.  yd.  in  10  hr.     With 

wages  at   15  ct.  an  hr.  for  laborers  and  35   ct.  ;for  team  with 

driver,  including  an  allowance  for  wear  and  tear  on  tools,  the 

cost  was :  ' 

P,er  cu.  yd. 

.Plowing     ■ •;■■■•    ISS  "'■ 

Shoveling   (17  cu.  yd.  per  man)    ?,n    ; 

foreman  and  dumping   • •    J-"'"'  <"• 

Total        11.61  ct. 

Hauling   ( including  lost  tiine)   800  ft ^-O^  et. 

'^rand   total :.'.,.;...''  20.64  ct. 
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Since  each  team  hauled  only  40  cu.  yd.  800  ft.  in  10  hr. 
at  a  cost  of  1.12  ct.  per  cu.  yd.  /per  100  ft.  it  would  appear  at 
first  sight  that  the  wagons  could  not  have  held  1.6  eu.  yd.  each 
as  stated;  but  when  team  time  lost  at  each  end  of  haul  in  waiting 
to  load  and ,  dump  is  considered,  we  have  an  explanation  of  the 
high  cost  of  9  ct.  for  an  800-ft.  haul.  Mr.  Brown  adds  that 
for  every  200  ft.  of  added  haul,  one  more  team  must  be  added  to 
the  force  above  given,  which  is  about  right,  but  indicates  that  no 
such  load  as  1.6  cu.  yd.  place  measure  was  carried. 

As  illustrating  what  can  be  done  when  work  is  rushed  and  the 
force  driven  to  its  limiting  capacity,  Mr.  Brown  gives  an  example 
of  an  embankment  1.25  miles  long,^  10  ft.  high,  containing  97,500 
cu.  yd.  built  in  20  days.  The  haul  was  by  wagons  from  borrow 
pits  1,300  ft.  away.  Each  team  made  40  trips  a  day,  or  nearly 
20  miles;  each  man  loaded  28  cu.  yd.  The  cost  was  5.46  ct.  for 
shoveling,  6.25  ct.  for  team  time  on  wagons,  and  6.87  ct.  for 
plowing,  clearing,  foremen,  etc.  Estimating  backward  from  these 
data  it  appears  that  each  wagon  carried  about  1.25  cu.  yd., 
which  is  in  accord  with  the  author's  experience. 

The  following  examples  of  the  cost  of  loading  and  hauling 
vf.ith  wagons  are  taken  from  the  author's  time-books: 

Cellar  Excavation,  Wo.  1.  35  men  shoveling,  10  men  picking 
and  trimming,  output  500  wagon  loads  -of  sandy  earth  in  10 
hr. ;  each  wagon  averaged  1.5  cu.  yd.  loose  measure,  so  that  each 
shoyeler  loaded  21  cu.  yd.  of  loose  earth  per  day,  which  was  prob- 
ably equivalent  to  16  cu.  yd.  in  cut. 

Cellar  No.  2.  14  shovelers  loaded  23  wagon  loads  in  75  min,, 
or  at  theirate  of  one  wagon  load  per  shoveler  in  45  min.  Wagons 
held  1.5  cu.  yd.'  loose  measure,  hence  each  shoveler  averaged 
20  cu.  yd.' loose  measure  in  10  hr.  which  is  probably  equivalent 
to  16  cu.  yd.  in  cut.  L/ater,  8  shovelers  loaded  the  same  wagons 
in  from  3  to  5  min.  time  for  each  wagon  load,  the  average  of  10 
loads  being  4  min.,  which  is  equivalent  to  a  rate  of  27  cu.  yd. 
loose  earth  shoveled  per  man-day  or  say  21  cu.  yd.  in  place. 
The  haul  was  4,350  ft.,  over  level  pavements,  except  at  the  pit 
aiid  at  the  dump,  and  the  round  trip  took  29  min.  on  an  average, 
teams  jogging  back  part  of  the  way  at  a' trot,  so  that  the  average 
speed  going  and  coming  was  300  ft.  per  min.  The  earth  was 
easily  plowed  by  one  team  with  a  driver  and  a  plow  holder  who 
loosened  300  cu.  yd.  a  day.  It  will  be  noted  that  when  14  shov- 
elers were  crowded  about  each  wagon,  each  sho^  _ler  loaded  at  the 
rate  of  a  wagon  load  in  45  min.  as  compared  with  32  min.  when 
only  8  shovelers  were  engaged,  showing  the  poor  economy  result- 
ing from  crowding  the  men  about  the  wagon., 
Embankment  Approach  to  Bridge.     8  shovelers  in  pit,  1  man 
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on  dump,  7  teams  hauling  wagons,  1  team  plowing?'  output,  140 
wagon  loads  of  gravel  per  10-hr.  day,  with  a  3,000-ft.  haul.  Road 
level,  except  coming  out  ol  pit,  Wagon  load,_  l"  cu.  yd.  loose 
measure,  17.5  cu.  yd.  loose  gravel  loaded  per  shoveler  which  is 
probably  equivalent  to  13  cu.  yd.  in  place;  each  team  traveled 
22.5  miles  daily ;  time  lost  in  dumping  was  1  min. 

Dike  No.  1.  3,800  cu.  yd.  sandy  gravel  measured  in  fill,  hauled 
2,000  ft.,  required  300  man-days  and  150  team-  (with  driver) 
days,  at  a  cost  of  25.5  ct.  per  cu.  yd.;  12.75  cu.  yd.  per  man-day, 
including  dump  men,  and  25.3  cu.  yd.  per  team-day,  including 
plow  teams. 

Dike  No.  2.  6,500  cu.  yd.  of  loam,  measured  in  fill,  moved  80ff 
ft.  on  an.  average  with  wagons  and  No.  2  wheel-scrapers,  of  which 
3,700  cu.  yd.  were  hauled  1,100  ft.  with  wagons,  aiid  2,800  cu.  yd. 
w6re  hauled  400  ft.  with  wheelers,  380  man-days  (10  hr.)  at 
$1.50,  and  280  team-days  at  $3.50  were  required,  making  the  cost 
24  ct.  per  cu.  yd.  as  the  average  of  both  wheel-scraper  and  wagon 
work.  6  shovelers  load  a  wagon  with  1.25  cu.  yd.  loose  measure 
in  3.5  min.,  and  the  man  on  the  dump  helped  by  the  driver  dump 
wagon  in  1  min. 

-■'Dike  No.  3.  5  shovelers  at  $1.50  per  10-hr.  day,  2  tekms  at 
$3.50  and  1  man  dumping  and  spreading,  moved  540  cu.  yd.  coarse 
gravel,  measured  in  fill,  a  distance  of  1,600  ft.,  in  8.5  days;  12:75 
cu.  yd.  per  day  per  shoveler;  31.75  cu.  yd.  per  day  per  team;  63.5 
cu.  yd.  per  day  per  dump  man. 

Loading  Dump  Wagons  with  Scrapers  and  "  Traps."  In  the 
work  described,  Troy  dump  wagons  were  driven  under  a  platfoirm, 


Fig.  22.    Trap  for  Loading  Wagons  by  Drag  Scrapers. 


or  "trap,"  Fig.  ^2,  and  loaded  by  drag  scrapers,  which  were 
dumped  through  a  hole  in  the  platform.  The  work  was  the  ex- 
cavation of  a  street  in  a  Western  city,  and  the  methods  and  costs 
were    noted    by    a    representative    of    Engineering-Contracting, 


200      HANDBOOK  OF  EARTH  EXCAVATION 

Jan.  23,  1907'.  The  street  i  in  question  had  a  grade  of  about 
6%,  and  the  average  cut  was  2  ft.  The  drag  scrapers  were 
loaded  and  hauled  down  hill  to  the  loading  platform. 

In  the  center  of  the  platform  was  a  hole  2  ft.  square,  and  in 
front  of  the  hole  was  nailed  a  cleat.  This  eleat  served  to  catch 
the  front  edge  of  the  drag 'scraper  and  dumped  it  automatically. 
Still  it  was  found  advisable  to  have  a  dump  man  on  the  platform 
to  assist  in  dumping  the  scraper  and  to  shovel  any  scattered  dirt 
into  the  hole.  On  the  side  of  the  hole  opposite  the  cleat  was 
nailed  a  board  which  hung  downward  below  the  hqile.  This  board 
served  to  prevent  any '  dirt  from  spilling  over  the  side  of  the 
wagon  which  stood  under  the  hole. 

On  each  end  of  the  platform  was  an  inclined  runway.  The  run- 
way on  the  left  side  was  very  steep,  as  shown  in  the  drawing, 
and  earth  was  piled  up  against  it.  The  runway  on  the  right  side 
had  a  slope  of  7%  ft.  in  20  ft.  The  teams  came  up  on  the  left 
side  and  descended  on  the  right  side  of  the  platform. 

Those^  who  are  used  to  handlj'ng  drag  scrapers  know  that  a 
scraper  can  readily  be  hauled  up  a  slope  of  1  ft.  rise  in  2^  ft., 
which  makes  it  unnecessary  to  have  long  runways. 

The  platform  need  not  have  a  height  of  more  than  7   or  7% 
ft.  in  the  clear.     If  the  ground  is  very  soft,  it  is  often,  desirable  • 
to  lay  a  plank .  roadway  under  the  platform,  for  the  wagons  to 
travel  over. 

On  this  particular  job  there  were  5  scraper  teams  and  1  plow 
team,  beside  the  wagons.  The  wagon  loads  were  very  large,  prob-  , 
-ably  averaging  2  cu.  yd.  of  earth  measured  in  place,  and  it  took 
12  drag  scraper  loads  to  fill  a  wagon,  which  was  done  at  an  aver- 
age rate  of  5%  to  6  minutes  per  wagon.  This  is  at  the  rate  of 
more  than  20  cu.  yd.  loaded  per  hr.  The  average  distance  from 
the  point  of  loading  to  the  platform  in  a-direct  line  (the  "  lead  ") 
was  120  ft.,  which  was  an  unusi  ally  long  "  lead  "  for  drag  scraper 
work. 

The  cost  of  loading  the  earth  was  as  follows: 

Per  hour 

1  plow   team    $0.40 

1  man  holding  plow   0.20  ^ 

5  scraper   teams   at  $0.40    2.00 

1  man  loading  scrapers    0.20 

1  man   dumping  scrapers    ". 0.20  ^ 

Total,  20  cu,  5 d.'  at  15  ct $3.00 

,  It  will  be  seen  that  each  scraper  averaged  4*cu.  yd.  loaded  per 
hr. 

On  another  job  where  the  traps  were  moved  more  frequently, 
the  lead  was  about  50  ft.,,  and  3.  scraper  teams  loaded  a  wagon 
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with  12  scraper  loads  every  6  min.  This  was  at  the  rate  of  6.7 
cii.  yd.  per  team  per  hr.,  but  it  is  too  high  an  output  to  be 
counted  ou  even  with  so  short  a  haul  and  the  easiest  Icind  of  dirt. 
For  a  trap  10  x  12  ft.  and  two  runways  10  ft.  wide  and  20  ft. 
long,  the  following  is  a  bill  of  material: 

Ft.  B.  M. 

50  planks.  2  x  12  in.  x  10  ft 1,000 

5  stringirs,  6  x  6  in.  x  12  ft 180 

5  stringers,   6  x  6  in.  x  20  ft 300 

2  caps,  6  X  6  in.  x  10  ft 60 

6  posts,  6  X  6  in.  x  8  ft 144 


Total    1,684 

The  material,  at  $25  per  M,  would  cost  about  $42.  There  is 
practically  no  framing,  hence  the  cost  of  erecting  and  taking  down 
a  platform  does  not  exceed  $2.50  per  M,  or  $4  each  time  the  plat- 
form is  moved.  Assume  that  a  street  30  ft.  wide  is  to  be  exca- 
vated to  a  depth  of  2  ft.,  and  that  the  earth  is  to  be  hauled  to 
the  platform  for  a  distance  of  130  ft.  on  each  side  of  the  plat- 
form. ,  Then 

2  X  30  X  270  ^  27  =  600  eu.  yd. 

Hence  600  cu.  yd.  would  be  loaded  before  moying  the  platform, 
and,  since  it  costs  only  $4  ■  to  move  and  erect  the  platform,  we 
have  a  cost  of  $4  -^  600,  or  two-thirds  of  a  ct.  per  eu.  yd. . 

Frequently  it  is  desired  to  load  earth  from  a  hillside.'  Fig. 
23  shows  a  trap  used  for  this  purpose,  where  wagons  were  loaded 
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Fig.  23.    Method  of  Loading  Wagons  on  a  Side  Hill. 

with  sand.  In  this  case  the  wagons  were  not  driven  under  the 
platform,  but  were  driven  in  front  of  it,  and  a  chute  from  the 
hole  in  the  platform  served  to  deliver  the  sand  into  the  wagon. 
The  driver  used  a  hoe  to  assist  the  sand  in  running  and  to  "  trim  " 
the  load. 

It  suggests  itself  to  us  that  in  a  case  like  this,  if  a  large  quan- 
tity of  sand  or  gravel  were  to  be  loaded  at  one  spot,  it  might  be 
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well  to  provide  storage  bins  into  which  the  scrapers  would  dump 
their  loads.     A  wagon  can  be  loaded  from  a  bin  in  1  to  1%  min. 

Wagons  loaded  Through  a  Trap  hy  Fresno  Scrapers.  Contrib- 
uted by  W.  A.  Gillett/  to,  Engineering  and  Contracting,  July,  17, 
1912. 

I  have  taken  the  following  data  from  my  daily  reports  on  an 
earth  job  running  for  four  months  and  involving  the  moving  of 
206,000  cu.  yd.  of  earth  on  a  section  of  the  main  canal  on  the 
Yuma  reclamation  work.  The  work  consisted  in  building  a  canal 
84  ft.  wide  at  the  bottom,  124  ft.  on  the  top,  10  ft.  deep,  top  of 
embankment  20  ft.  wide,  inside  slopes  2  to  1,  outside  slope  3  to  1. 
The  cuts  averaged  about  5,  ft.  However,  we  had  one  hillside  cut 
32  ft.,-  arid  much  of  the  work  was  hillside  cut  12  ft.  to  16  ft.,  the 
deepest  through  cut  being  about  12  ft.;  average  haul  was  about 
150  ft.,  extreme  haul  about  500  ft. 

The  material  was  largely  sand  and  gravel,  although  some  was 
so-called  volcanic  ash,  a  light  yellow  soil.  Very  little  plowing 
was  necesiary,  most  of  it  being  done  with  a  farm  plow  and  two 
mules.  A  small  amount  required  four  mules  and  some  required 
six  miiles. 

The  cost  per  yd.  was  nearly  18  ct.,  including  the  entire  cost  of 
moving  on  to  the  work  and  away,  which  was  about  2,500;  brush- 
ing and  clearing  cost  about  $800.  ,        .^  , 

In  California,  we  are  much  in  favor  of  the  fresnos  for  hauls 
up  to  200  ft.,  althpugh  1  believe  150  ft,  ,is  their  econom^q ,  limit. 
Many  contractors  contend  that  a  fresno  is  good  up  to  400  ft., 
and  some  contractors  hold  that  a  fresno  will  beat  a  wheeler  at 
any  distance.  I  proved  to  my  satisfaction  on  this  work  that  a 
wheeler,  even  with  a  drop  front  gate,  is  practically  no  good  at  all, 
and  this  in  spite  of  my  previous  preference  for  wheelers.  I  do 
not  mean  to  condemn  the  self-loading  wheelers  with  the  tongue 
arranged  so  as  to  take  the  weight  oflE  the  neck  of  the  mules  be- 
cause I  have  never  used  them. 

I  can't  say  that  in  this  work  the  elevating  grader  had  a  fair 
chance,  because  the  soil  was  so  sandy  it  would  hardly  elevate, 
and  most  of  it  would  not  elevate  at  all,  besides  it  was  impossible 
to  maintain  or  form  a  firm  road  for  the  dump  wagons  to  travel 
over,  though  three  mules  were  used  on  a  2-cu.  yd.  dump  wagon. 

Upon  the  economic  failure  of  grader  and  wagons  for  hauls  of 
200,  ft.  and  over,  I  tried  wheelers fujp  to  400-ft.  haul.  I  soon 
found  that  it  was  costing  as  high  as  28  ct.  a  cu.  yd.;  andj  as  the 
bidding  price  was  21%  ct.,  I  knew  that  I  must  try  some  other 
method.  I  tried  the  fresnos  on  these  long  hauls  up  to  400  ft.,  and 
that  was  worse,  costing  as  high,  as  33  ct.  a  cu.  yd.  Loading  in 
wagons  by  hand  was  out  of  the  question,  so  finally  I  decided  to 
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try  loading  wagons  through  a  trap,  using  the  fresnos  to-  load 
through  the  trap.  The  out  was  about  12  ft.  in  which  there  were 
about  30,000  cu.  yd. 

The  first  move  was  to  make  a  trench  wide  enough;  to  drive  a 
wagon  through  and  under  the  trap  and  deep  enough  to  place 
the  top  of  the  trap  4  ft.  above  the  finished  canal  bottom.  This 
was  done  so  as  not  to  be  compelled  to  lower  the  trap  or  raise 
the  bottom  dirt  over  4  ft.  to  the  top  of  the  trap.  The  trap  floor, 
which  rested  on  6  x  6-in.  posts,  eight  on  eaeh  side,  was  24  ft. 
wide,  with  a  hole  24  x  30  in.  in  the  center,  throijgh  which  the 
dirt  was  diumped.     On  each  side  of  the  hole  was  bolted  a  2  x  4-in. 


Fig.  24.     View  of  Trap  for  Loading  Dump  Wagons  by  Fresnos. 


cleat,  same  length  as  the  hole  (30  in.),  on  which;  the  fresno 
blade  would  strike  to  assist  in  dumping  it.  Much  o|  the  time 
the  fresno  crossed  the  traj),  which  was  in  the  center  of  the  pit, 
from  both  directions, 

I  used  five  5-ft.  fresnos,  four  mules  each  and  driver,  two  fresno 
loaders,  one  dumper,  one  "  two-up  "  plow,  and  five  "  three-up  " 
wagons,  2  cu.  yd.,  most  of, the  time.  Qn  the  extreme  haul  sijf 
wagons  were  u,sed. 

The  fixed  cost  for  loading*was  22  mules,  $22.00;  five  fresno 
drivers  at  $2.00,  $10.00;  sub-foreman,  $2.50 ;  one  plow  driver, 
$2.25;  two  fresno  loaders  at  $3^00,  $4,00;  one  dumper,  $2.00;  or 
a  total  of  $42.75  a  day.  We  lo£^ded  on  the  average  one  wagon 
about  every  70  seconds  with  an  estimated  average  of  1%  cu.  yd., 
which  checked  closely,  with  the  monthly  estimates,  or  730  cu.  yd. 
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in  eight  hours,,  or  146  cu.  yd.  per  fresno,-;  which  is  about  5%  et. 
a  eu.  yd.i  for  loading  by  trap. 

With  an  elevating  grader  we  have  .the  following  itemized  cost 
of  operation':  16  mules,  $16.00^  elevator  man,  $4.00;  conveyor 
man,  $2.50;  lead  driver,  $3;00;  push 'driver,  $2.50;  or  total  $28.00; 
and,  based  on  the  same  amoimt  loaded,  which  would  also  be  a 
fair  average,  730  eu.  yd.  in  eight  hours,  we  have  a  loading  cost 
of  4  ct.  a  cu.  yd.  Therefore  where  there  is  room  for  a  grader, 
and  the  material  is  favorable,  the  grader  has  an  advantage  of 
1'%  ct.  a  cu.  yd. 

It  can  be  seen  that  in  sand  or  loose  gravel,  or  where  the  lay 
of  the  ground  is  unfavorable,  or  the  quantity  of  excavation  is 
not  sufficient  to  warrant  the  purchase  of  an  elevating  grader,  the 
trap  method  is  excellent. 

The  hauling  cost  was  as  follows :  Five  "  three-up  "  wagons, 
15  mules,  $15.00;  5  wagon  drivers  at  $2.00,  $10.00;  1  dump  man, 
$2.50,  or  $27.50  per  day,  or  a  total  of  $70.25  per  day  of  8  hr.; 
about  8%  ct.  per  cu.  yd. 

My  average  overhead  cost  chargeable  to  the  trap  gang  was 
$14.00  per  day,  and  this  included  superintendent,  time-keeper, 
blacksmith  and  helper,  camp  and  stable  help,  waterboy,  camp 
stock  working,  and  camp  stock  idle,  etc.  Adding  this  overhead 
item  made  $84.25  to  move  730  ou.  yd.  or  11^  ct.  a  cu.  yd. 

The  haul  increased  as  the  embankment  was  built  out,  so  that, 
at  the  last,  six  wagons  were  used.'  Prom  the  trap  to  the  begin- 
ning of  the  embankment  was  about  125  ft.,  and  the  dump  ex- 
tended out  about  300  ft.  further. 

We  were  able  to  load  as  liigh  as  1,000  cu.  yd.  many  days  with 
the  five  loading  fresnos,  or  200  cu.  yd.  per  fresno^  and  on  some 
days  more.  This  only  occurred  when  the  dirt  was  bucked  down 
hill  to  the  trap. 

I  think  the  reason  why  the  average  output  per  day  per  fresno 
was  only  146  cu.  yd.  was  due  to  a  shortage  of  wagons  under  the 
trap  more  than  to  inability  of  the  loading  outfit. 

This  low  cost  of  moving  dirt  by  trap  and  wagon  brings  out 
another  interesting  point,  namely  the  amount  of  earth  which 
can  be  moved  by  fresnos  on  short  hauls.  This  pit  was,  on  an 
average,  104  ft.  wide.  The  extreme  distance  from  the  trap  hole 
to  end  of  pit  was  about  100  ft.,  showing  that  a  fresno  will  move 
200  cu.  yd.  in  eight  hours  on  a  down  hill  pull. 

Scrapers  Used  to  load  Dump  Wagons.  The  Tabeaud  Dam 
near  Jackson,  Cal.,  was  constructed  of  earth  under  the  direction 
of  Mr.  Burr  Bassell.  In  the  beginning  a  steam  shovel  loading 
dump  wagons  was  employed,  but  the  large  percentage  of  stone  re- 
tained in  the  earth  by  this  method  of  excavation  did  not  meet  the 
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requirements  of  the  engineers,  and  buck  scrapers  of  tlie  Fresno 
pattern  were  substituted.  These  scrapers  loaded  -wagons  through 
a  trap  in  a  platform,  the  hole  being  20  by  40  in.  in  size.  In 
good  material  8  scrapers  filled  25  dump  wagons  per  hour,  the 
wagons  being  of  3-cu.  yd.  capacity.  All  rock  of  4  in.  in  diameter 
was  picked  out  by  hand.     The  haul  was  y^  mile  long. 

Six  horse-power  graders  leveled  the  loads  of  dumped  material. 
Harrows  and  sprinklers  and  rollers  followed.  The  dam  was  made 
in  6  to  8-in.  layers.  One  roller  was  5  ft.  wide  and  weighed  5 
tons,  and  the  other  weighed  8  tons  and  had  a  40-in.  face,  neither 
roller  being  grooved.  The  loaded  wagons  weighed  6  tons  each,  and 
materially  assisted  in  compacting  the  fill. 

Mr.  James  C.  Schuyler  examined  the  embankment  and  reported 
that  the  test  pits  showed  that  there  was  no  distinct  line  trace- 
able between  the  layers,  and  no  loose  or  dry  spots,  but  the  whole 
mass  was  solid  and  homogeneous. 

The  contract  price  of  the  work  was  40  ct.  per  cu.  yd.  of 
embankment. 

A  High  Cost  for  Wagon  Work.  The  following  is  taken  from 
Engineering  and  Contracting,  Apr.  21,  1909.  The  work  con- 
sisted of  excavating  earth  from  a  barrow  pit,  to  be  used  in  making 
an  embankment  on  a  railroad.  The  material  was  sandy  with 
but  a  little  clay  in  it,  yet  stiff  enough  to  be  loaded  by  an  ele- ' 
vating  grader,  but  easily  loosened  by  plowing,  so  that  a  deep 
furrow  loosened  a  large  mass  for  shoveling.  A  National  ele- 
vating grader  was  used  to  load  National  dump  wagons,  the  aver- 
age lead  .pn  the  material  being  about  2,300  ft.,  thus  making  an 
average  haul  of  2,600  ft.  when  using  a  grader,  or  a  haul  of  2,300 
ft.  when  loading  by  hand,  the  difference  being  that  the  wagon  must 
follow  the  grader  to  be  loaded  and  must  go  to  one  end  or  the 
other  of  the  pit  to  enter  and  leave  it. 

When  the  embankment  was  about  half  made,  the  contractor 
was  compelled  to  move  the  grader  to  another  seption  of  the 
road,  in  order  to  hasten  the  construction  there,  and  in  an  en- 
deavor to  continue  the  work  in  the  borrow  pit,  he  put  a  force 
of  men  at  work  there,  loading  some  dump  wagons  by  hand. 
This  was  done  in  the  early  part  of  the  winter. 

A  plow  was  used  to  loosen  the  ground,  but  more  than  half  the 
time  it  was  employed  in  plowing  for  a  gang  of  wheel  scrapers  in 
a  nearby  cut.  Only  the  aptual  time  of  plowing  is  charged  against 
the  wagon  work.  About  12  men  did  the  shoveling,  and  as  the 
material  was  dumped  in  layers  on  the  embankment  two  men 
were  used  to  spread  the  earth.  Seven  wagons  were  used  in  the 
run. 

The  following  wages  were  paid  for  a  10-hour  day: 
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Foreman    ...■ ?''■'"' 

Laborers    . ..' ,. 1-50 

Wagon,   team   and   driver   !>-^0' 

Four-horse  plow  team  ' 9.00 

The  work  was  continued  for  17  days,  the  gang  excavating  in 
that  time  1,293  cu.  yd. 

The  daily  cost  records  from  the-  start  showed  a  high  cost,  and 
although-  every  effort  was  made  to  reduce  these  costs,  and  they 
were  reduced  somewhat  from  day  to  day,  yet  at  the  end  of  the 
17  days  they  were  still  so  excessive  that' it  was  decided  to  with- 
draw the  gang  and  wait  until  the  grader  could  be  put  back  into 
the  barrow  pit. 

The  cost  of  doing  the  work  was  as- follows: 

Foreman,   17  days    $     51.00 

Laborers,  201  days 301.50 

Wagons,   125  days    625.00 

Plow,   7  days 63.00 

Dump  men,  36  days   54.00 

Total     $1,094.50 

This  gave  an  average  cost  per  cu.  yd.  of  the  following: 

Foreman    , $0,040 

Loading 0.233 

Hauling     , 0.4S! 

Loosening     '. 0  04S 

Spreading   on   dump    ^ 0.042 

Total $0,846 

It  is  evident  that  this  is  a  high  cost. '  An  analysis  shows  that 
each  man  shoveled  6.4  cu.  yd.  Working  against  a  breast  and 
casting  into  dump  carts,  a  man  should  have  loaded  from  12  to 
13  cu.  yd.  of  this  material  in  10  hr.  Each  man  on  the  dump 
spread  36  cu.  yd.  of  earth  in   10  hr. 

Each  team  traveled  on  an  average  of  10  miles  per  day  and 
hauled  about  11  cu.  yd.  About  I  cu.  yd.  M'as  hauled  to  the  load, 
place  measurement,  although  the  wagons  "were  of  1%  cu.  yd. 
capacity.  These  ftgures  show  that  the  great  trouble  was  in  the 
gait  set,  both  by  a  few  men  in  loading  and  by  the  teams  in  making 
a  fairly  long  haul.  The  loading  was  slow,  so  the  teams,  not  being 
pushed,  traveled  at  a  slow  pace. 

As  soon  as  the  grader  was  put  to  work,  the  wagons  were 
loaded  quickly;  they  went. off  to  the  dump  at  a  faster  pade,  and 
a  toot  from  the  traction  engine  pulling  the  grader  caused  them 
to  come  back  from  the  pit  at  a  trot.  A  large  number  of  wagons 
were  used  with  the  grader,  and  there  was  bound  to  be  much 
greater  interest  and  enthusiasm  ip  the  work  and  the  rate  at 
which  it  was  done. 
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This  is  evidenced  by_  the  cost  of  excayating  a  yard  of  the 
material  with  the  grader,  which  was  as  follows: 

Foreman |0.01 

Loading .• 0.04 

Hauling    , 0.25 

Spreading  on   dump    , 0.02 

Total $0.32 

This  shows  a  saving  of  over  52  ct.  per  cu.  yd.,  and  yet  the 
grader  excavated  only  300  cu.  yd.  per  day,  as  it  frequently  had 
to  wait  on  the  wagons  to  return  from  the  dump. 

Cost  of  Earth  Excavation  with  Wagons  During  Winter 
Weather  is  given  in  EngineeeHng  and  Contracting,  Feb.  5,  1908,^ 
as  follows:  The  work  was  done  in  constructing  a  railroad  in 
the  month  of  February,  when  frequent  snows  and  rain  occurred, 
and  for  a  number  of  days,  the  ground  was  freezing  throughout 
the  day.  The  work  was  started  near  a  large  body  of  water  and 
a  cold  wind  blew  from  over  this  water  chilling  the  men  and 
animals. 

The  ground  was  a  sandy  loam,  and  little  or  no  loosening  of 
the  material  would  have  been  necessary  if  the  weather  had  not 
heen  SO"  cold.  The  material  was  taken  from  a  large  borrtS'w  pit 
and  a  few  days'  work  with  a  plow  would  have  looseiled  the  1,293 
cu.  yd.  excavated;  but,  owing  to  the  ground  freezing,  the  plow 
had  to  be  used  7  days.  This  alone  added  4  or  5  ct.  per  cu.  yd. 
to  the  cost. 

The  earth  was  hauled  in  wagons  an  average  distance  of  2,500 
ft.  The  dump  was  over  a  marsh,  and  an  extra  man  was  needed 
on  the  embankment  to  help  cast  the  earth  uhead,  so  the  horses 
could  walk  over  the  marsh.  The  dumpmen  also  had  to  knock 
some  of  the  earth  out  of  the  wagons  on  account  of  its  being 
frozen.  For  two  days  a  third  man  was  needed  to  assist  in  this 
work.  This  added  to  the  cost  of  dumping.  The  wagons  used 
were  1^  cu.  yd.  dump  wagons,  and  they  carried  about  1  cu.  yd. 
place  measurement.  Ten  round  trips  were  made  a  day  so  each 
wagon  took  10  yd.  to  the  dump,  and  the  lost  time  and  time 
consumed  in  making  the  trip  averaged  one  hour  for  each  load. 
This  shows  how  the  cost  of  hauling  was  increased  as  the  teams 
should  have  traveled  from  17  to  20  miles  per  day,  instead  of 
10  miles. 

The  men  shoveled  6.4  cu.  yd.  per  day.  With  this  kind  of 
material  from  12  to  14  cu.  yd.  per  man-day  should  have  been 
loaded,  showing  conclusively  how  the  weather  affected  the  physi- 
cal exertions  of  the  men.  This  small  output  of  the  men  increased 
the  supervision  cost  per  cu.  yd. 
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The  wages  paid  on  the  job  for  a  10  hr.day  were  as  follows: 

Foreman ^I'tn 

Laborers    i J  ?)J 

Teams,  driver  and  2  horses   ^jjU 

Plow,  2  men  and  4  horses  9.00 

The  total  cost  of  excavating  and  transporting  the  1,293  cu.  yd. 
2,500  ft.  was: 

Foreman    t ?     44.00     ,  . 

Laborers    ^ ' 301' .50      - 1 

Teams    . ; ' 562^0       .    ?  , 

Plowing    :  •  63.00  , 

Dumpmen 64.00 

Total $1,023.50 

This  gives  a  cost  per  cu.  yd.  for  the  various  items  as  follows : 

Foreman    $0.032v, 

Loosening     = 0.050 

Loading     '. 0.233 

Dumping     0.011 

Hauling     0.433 

Total , $0,791 

To  illustrate  how  the  weather  affected  the  cost  of  this  work,  a 
comparison  of  this  unit  cost  with  some  work  done  on  the  same 
job  during  the  previous  autumn  will  be  made.  The  weather  con- 
ditions were  ideal.  The  same  wages  were  paid.  The  cost  per  cu. 
yd.  for  the  2,500  ft.  haul  was: 

Foreman .' $0,016 

Loosening   ' s .  0.000 

Loading    0.125 

Dumping  0.019 

Hauling    0.260 

Total    $0,420 

No  plowing  was  done  as  the  sandy  loam  was  readily  shoveled 
by  the  men  without  any  loosening.  The  men  shoveled  12  cu.  yd,. 
per  day,  and  the  teams  carried  1  cu.  yd.  (place  measurement),  for 
a  load.  They  traveled  17  miles  per  day.  Two  men  were  used 
on  the  dump,  as  during  February. 

Economical  Handling  of  Teams  with  a  Jerk  line.  In  JSn- 
'  gineering  and  Contracting,  Apr.  14,  1909,  W.  A.  Gillette  describes 
the  method  of  handling  teams  with  a  jerk  line,  as  practised  in 
the  extreme  West.  When  three  or  four  teams  are  used,  as  on 
road-grader,  plow  or  wagon,  this  practice  should  be  followed 
in  order  to  do  away  with  the  unnecessary  cost  of  extra  dylvers. 
One  driver  is  used  for  one,  two,  three,  four,  five  or  more  teams, 
and  the  driver  will  handle  three,  four  or  more  teams  with  one 
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rein  or  jerk  line,  with  as  inuch  ease  as  the  ordinary  driver 
handles  one  team.  It  is  a  comparatively  simple  matter  to  train 
teams  to  respond  to  a'  jerk  line  and  to  the  shouts  of  "gee"  and 
"  haw." 

It  is  customary  to  use  a  strong  braided  clothes  line  for  a 
"jerk  line."  This  line  reaches  from  the  "nigh"  wheel  animal 
to  the  "  nigh ''  lead  animal,  and  is  fastened  to  the  left  hand  side 
of  the  bit ;  from  this  main  line  a  short  piece  of  the  line  passes 
under  the  jaw  to  the  right  side  of  the  bit,  making  a  "  Y."  Fas- 
tened to  the  hames  on  the  right  side  of  the  "  nigh  "  lead  is  a 
"jockey  stick"  (a  short  piece  of  wood  or  iron)  which  reaches 
to  a  curb  strap  fastened  to  the  bit  of  the  "  off  "  lead  animal.  A 
straight  pull  on  the  jerk  line  pulls  the  "  jerk "  line  or  "  nigh  " 
animal  to  the  left,  or  "  haw,"  and  the  "  jockey  stick "  guides 
the  "  off  "  animal.  A  succession  of  jerks  on  the  line  causes  the 
"  nigh "  or  left  lead  animal  instinctively  to  throw  its  head  to 
the  right,  to  escape  from  the  jerking,  and  the  '"  jockey  stick " 
guides  the  "off  "animal  to  the  right  also,  or  "gee." 

A  little  patience  will  teach  the  lead  team  to  "  gee  "  or  "  haw  " 
if  the  guiding  words  "  gee  "  or  "  haw  "  are  shouted  every  time  the 
line  is  used.  By  fastening  the  following  teams  to  the  double 
trees  of  the  team  ahead,  they  will  soon  learn  to  follow  the  team 
ahead  without  being  tied,  and,  as  a  matter  of  fact,  it  is  not  as 
handy  in  turning  around  if  each  team  is  fastened,  as  it  does  not 
permit  them  to  cross  over  and  out  of  the  way  of  the  chain  while 
turning. 

When  a  team  has  been  properly  trained  in  turning  to  the  right 
or  "  gee,"  for  example,  the  teams  following  the  lead  teams  will 
step  ■  ovet  on  the  left  of  the  draft  chain  and  follow  it  around 
until  the  chaift  is  straight  for  the  return  trip;  then  each  animal 
will  cross  over  to  his,  place  on  the  right  side  of  the  chain. 

Handling  Excavation  frpm  a  Iiarge  Cellar.  According  to 
Engineering  Nevs,  October  8,  1914,  cellar  excavation  for  the 
William  Penn  Hotel  at  Pittsburgh,  Pa.,  amounted  to  about  55,000 
cu.  yd.  The  depth  of  cut  ranged  from  40  to  60  ft.  the  excava- 
tjon  was  made  by  a  1-yd.  Thew  steam  shovel  loading  into  1.5-cu. 
}  1.  Koppel  steel  d\  mp  cars  hauleJ  by  mules  on  narrow-gage 
track.  These  cars  dumped  into  a  5-yd.  gkip  at  the  bottom  of 
an  inclined  hoist  tower.  This  skip  when  at  the  top  of  the  hoist 
tower,  tripped  its  load  into  motor  trucks.  Three  trucks  and 
tliree  trailers  were  in  use,  each  of  about  5  cu.  yd.  capacity.  The 
haul  to  the  dumping-hoard,  at  the  river's  edge,  was  about  1  mile, 
anil  some  400  trips  were  made  in  24  hr.,  about  75%  of  the  total 
number  of  trips  being  handled  during  the  night  on  account  of 
the  clearer  streets. 
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The  dumping-board  consisted  of  a  pontoon  bridge  (with  a 
planked;  roadway)  built  up  of  girders  whose  outshore  end  was 
supported  by  two  scows.  Under  the  bridge  was  a  bin,  into  which 
the  trucks  dumped  through  a  trap.  At  the  end  of  the  bridge  a 
turntable  was  built  up  on  the  scows,  the  truck  after  dumping 
was  turned  on  this  and  returned  to  shore  rujining  forward.  The 
spoil  was  taken  away  on  barges  carrying  3-yd,  boxes,  filled  from 
the  bin.     At  the  dump  the  boxes  were  litted  oflF  by  a  derrick. 
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Fig.   25.    Tipple  Used   for   Removing  Excavated  Material   from 
Wm.  Penn  Hotel  Foundations. 


The  Economy  of  Wagon  Train  Haulage  with  Motor  Trucks. 
The  motor  truck  cannot  always  go  where  a  team  can  go,  and  it 
cannot  wait  like  a  team  without  excessive  cost  for  loading  and 
unloading.  In  order  to  sv.ccessfully  compete  with  teams  on 
e-'^h  hauling,  the  Hiotor  truck  must  have  haulage  conditions 
which  make  the  ratio  of  running  time  to  standing  time  large  and 
high  aVerage  speeds  possible.  The  following,  taken  from  En-, 
gineering  and  Contracting,  Dec.  3,  1913,  indicates  that  the  great- 
est economy  of  motor  truck  haulage  often  lies  in  using  the  truck 
as  a  locomotive  in  connection  with  wagon  trains. 

During  the   past  two   years   extensive  experiments  have   been 
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made  by  the  Troy  Wagon  Works  Co.  of  Troy,  Ohio,  to  adkpt  the 
wagons,  now  commonly  pulled  as  trailers  by  traction  engines,  to 
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Fig.  26.     Layout  of  Plant  for  Excavating  for  Wm.  Penn  Hotel. 

use  with  motor  trucks.     In  studying  the  problem  of  the  ability 
of   motor   trucks   to   pull   one   or   more   trailers,   the   conclusion 
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reached  was  that  the  average  truck  loaded  to  its  rated  capacity, 
in  addition  to ..  carrying  iis  rated  load,  develops  a  dravrbar  pull 
eq^ual  to  about  one-half  of  its  rated  load.  A  team  of  horses  will 
develop  a  maximum  sustained,  drawbar  pull  equal  to  about  one- 
fourth  of  their  weight,  it  was  estimated  from  the  teats  that  the 
drawbar  pull  required  to  move  a  ton  of  material  varies  ifrom  50 
lb.  on  a  brick  street  to  150  lb.  on  a  hard  surfaced  country  road,  no 
gradfes  of  consequence  considered.  Further  variations  are  in  pro- 
portion to  grades,  road  conditions,  etc.  On  average  roads  with 
average  grades  the  drawbar  pull  required  is  about  250  lb.  per 
ton  of  live  load  moved  on  a  properly  constructed  vehicle.  This 
was  another  conclusion  drawn  from  the  tests.     On  this  basis  an 
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Fig.  27.     Turntable  Used  on  Wm.  Penn  Hotel  Job. 


average  3-ton  truck  will  pull  10  tons  live  load  in^  addition  to  the 
rated  load  on  the  truck  proper,  in  other  words  the  drawbar  pull 
of  the  average  3-ton  truck  equals  that  of  three  3,000-lb.  teams." 

Figure  28  shows  "  draft  per  ton  curves  for  various  road  con- 
ditions "  from  actual  tests.  In  order  to  take  care  of  possible 
conditions  not  obtained  in  the  actual  tests,  the  per  ton  drawbar 
pull  given  in  the  paragraph  above  is  placed  considerably  in  excess 
of  that  shown  by  the  tests. 

Tests  were  made  in  which  the  trailer  plant  was  three  times  the 
number  being  pulled,  y^  of  the  plant  at  the  loading  point,  %  in 
transit  and  %  being  unloaded,  in  order  to  keep  the  motor  truck 
from  being  delayed. 

Table  I  shows  the  conclusions  reached  from  actual  tests  in 
tons  delivered,  comparing  teams  with  motor  alone,  .with  motor 
hauling   one   trailer   and   motor   hauling  two   trailers.     In   con- 
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-tox  Lmei  HJOX  *2io%  *WX  **o, 

Crade» 

Fig.  28.     Draft  per  Ton  Curves  for  Various  Road  Conditions. 


"TABLE  I  — DAILY  TONNAGE  DELIVERED 


Length 
of  haul  _ 
%'mile 

1  mile 

2  miles 

3  miles 

4  miles 

5  miles 


One 

team 

one 

wagon 

27 

18 

12 

9 

6 

6 


Motor 
alone 

42 

36 

30 

21 

18 

18 


Motor 
hauling 

one 

trailer 

160 

140 

85 

60 

50 

35 


Motor 
hauling 

two 
trailers 
280 
260  ■ 
160 
110 
100 

*ro 


TABLE  II.-  TON-MILE  COSTS 


Distance 
of  loaded 

haul 
in  miles 

1 
2 
4 
6 
8 
10 


One 

team. 

One 

wagon. 

Cost  per 

ton- mile 

0.444 

0.319 

^).256 

0.221 

0.214 

0.209 


Motor 

alone. ' 
Cost  per 
ton-mile 

0.480 

0.319 

0.240 

D.200     , 

0.186 

0.179 

,0.176 


Motor 

hauling 

One 

trailer. 
'  Co^t  per 

ton-mfle 

0.210 
0.154 
0.143 
0.137 
0.135 
0.134 
0.134 


Motor 
hauling 
Two 
trailers. . 
Cost  per 
ton-mile 
0.258 
0.167 
0.118 
0.106, 
0.104 
0.103 
0.1O3 


214      HANDBOOK  OF  EARTH  EXCAVATION 

nection  with  Fig.  29,  Table  11  indicates  ton-mile  cost  for  various 
outfits  and  shows  considerable  economy  by  the  use  of  trailers. 
The  tabulated  results  of  the  tests  indicate  a  saving  through  the 
use  of  trailers. 
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Pig.  29.    Curves  Showing  Ton-Mile  Costs  for  Various  Outfits. 


After  -making  a  study  of  the  difficulties  encountered  in  the 
manufacture  a^nd  vise  of  trailers  for  motor  trucks  the  truck  shown 
by  Fig.  ,30  was  designed,  and  is  now  placed  on  the  market  by- 
the  company  making  the  investigations.  The  specificEltions  for 
Troy  trailers  are  as  follows: 

Lengtli,  over  all  l-l  ft.  5  in.    .  '  ' 

"Width  over  all  7  ft.  %  in. 
Wheel  base  is  6  ft  9  in. 
Wheel  height  3  ft. 

Width  of  track  from  center  to  center  of  tires,  5  ft.  4%  in. 
Dimensions  of  frame  3  ft.  5%  in,  by  11  ft.  10  in. 
Dimensions  of  tires  4  x  %  in, 

Hei^lt  from  ground  to  top  of  frame  2  ft.  10'/^  in.     (No  load.) 
Boad  clearance  under  axles  17  in. 
'     Clear  space  between  steering  bars  4  ft.  8  in. 

Length  from  end  to  end  of  dTawbar  14  ft.  8  in. 
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.      Sjjrmgs  4  ft.  by  SVi  in. 
Diameter   of  sijindle,   2%  in. 
Bower  roller  bearings. 
\yeight  of  chassis  3,330  lb. 
,  Capaclt.v  2  to  5  tons  —  factor  of  jsafety' 25%  overload. 

Some  of  the  distinguishing  features  of  the  trailer  are  shown  in 
Fig.  30.  The  draw  bar  is  equipped  with  springs  which  provide 
resiliency  on  grades  and  prevent  shocks  to  the  motor  on  starting 
ami  stopping  the  truck.  Special  heads  are  used  on  the  draw  bars 
to  act  us  bumpers  between  trailers  when  operated  in  trains. 


30.     End  View,  Showing  Construction  of  Trailer  for  Motor 
Trucks. 


Types  of  Tractors.  The  tractors  now  on  the  market  can  be 
roughly  classified  into  three  divisions.  The  first  includes  those 
types  developed  from  the  earlier  steam  farm  tractor  engines 
which  were  an  adaption  of  the  locomotive.  They  are  built  with 
steel  tires  and  are  driven  either  by  steam  or  internal  combustion 
engines.  The  second  division  includes  rubber  tired  tractors  driven 
by  internal  combustion  engines  which  are  a  development  of  the 
heavier  motor  trucks.  These  machines  are  commonly  used  in 
connection  with  a  trailer  which  is  usually  mounted  on  two  steel 
tired  wheels.  The  third  division  includes  caterpillar  tractors, 
or  machines  with  "platform  wheels." 

A  Traction  Engine  Whose  Four  Wheels  are  Driving  Wheels 
is  described  in  Engineering  and  Contracting,  Aug.  13)  1913. 
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On  this  tractor  all  four  wheels  are  of  the  same  size  and  each 
carries  one-fourth  of  the  total  weight  of  the  machine.  As  no 
weight  is  carried  which  is  not  useful  in  producing  tractive  effort 
it  is  claimed  that  this  tractor  is  very  economical  in  fuel  con- 
sumption, and  because  of  the  better  distribution  of  the  weight 
and  the  driving  action  of  the  forward  wheels,  it  has  shown  ability 
to  work  in  places  where  it  would  be  impossible  to  use  tractors 
of  the  rear  wheel  type. 

As  both  axles  turn  in  going  around  curves  the  radius  of  turning 


Fig.    31.     35hp.    Steam    Tractor    Suitable    for    Hauling    Heavy 
'  Grading  Machinery.  ■" 'l"" 


can  be  very  small  in  the  25-hp.  machine,  the  smallest  radius  to  the 
insicle^Wheel   is  8  ft. 

The  drive  wheels  are  also  novel  in  that  the  face  is  of  open 
lattice  work  so  that  soft  mud  squeezes  through  and  allows  the 
cleats  to  reach  a  solid  footing.  For  work  in  exceptionally  soft 
mud  or  sand  extension  rims  are  provided. 

The  tractor  has  three  speeds  forward  and  one  reverse,  the 
three  forward  being  1%,  2%  and  4  miles  per  hr.  while  the  reverse 
is  2^  miles  per  hr.  The  fuel  used  is  either  gasoline,  kerosene  or 
distillate.  '  <  -     , 

A   Tractor   and   Semi-Trailer   Contractors'   Hauling   Outfit  is 
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descsribed  in  Engineering  and  Con.tracting,  Aug,   10,   1916;     The 
trailer    carries   the   load,   about    70%    of    the    weight   of   which 


Fig.   32.     Tractor  with  Four  Drive  Wheels  Made  by  the  Heer 
Engine  Co.,  Portsmouth,  O. 

is  on  the  rear  steel-tired  wheels  and  the  tractor  pulls  the 
load.  The  trailer  shown  has  a  120.-cu.  ft.  dump  body,  but  any 
special  form  of  body  required  by  the  character  of  the  load  can 
be  used.     The  trailer  is  quickly  coupled  and  uncoupled  and  it 


Fig.  33.     Tractor  and  Semi-Trailer. 


is  common  practice  to  use  three  trailers  with  one  tractor,  one 
being  loaded,  one  being  hauled  and  one  at  destination  being  un- 
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loaded.  Any  otheri  of  several  similar  eombinations  of  •  trailer 
and  more  than  one  trailer  can  be  effected  to  suit  the  conditions. 
With  the  combination  as  shown  by  the  illustration  a  turn  can  be 
made  without  backing,  in  a  31 -ft.  circle  and  by  backing -the  train 
can  be  turned  in  a  20-ft.  street.  The  wheel  base  of  the  tractor 
is  only  80  in.,  and  that  of  the  trailer  is  11  ft.  3^  in.  In  addi- 
tion to  its  short  wheel  base  the  tractor  has  the  feature  of  an 
independent  spring  supported  from  plant  sub-frame.  None  of  the 
load  comes  on  the  springs  of  this  sub-frame,  but  on  the  heavy 


'•'■■.f'&fe. 


Fig.   34.       Caterpillar   Tractor   with   30-in.   Plates   Attached"  to 
Platform  Wheel. 


springs  of  the  main  frame.  There  are  two  separate  sets  of 
springs,  one  set  adjusted  to  the  light  constant  load  of  the  power 
plant,  gasoling  tank  and  driver's  seat,  and  a  second  set  for  the 
tractor  frame  proper.  The  tractor  hauling  unit  as  illustrated 
has  been  tried  out  for  a  season  on  actual  contract  work  and  is 
marketed  with  full  assurance  by  the  builders  of  its  efficiency. 
The  -builders  are  the  Watson  Wagon  Co.,  Canastota,  N.  Y. 

A  "Caterpillar  Tractor"  for  Hauling  Over  Soft  Ground.  A 
nine  ton  trajCtion  engine  with  its  weight  so  carried  that  the  load 
upon  the  ground  is  only  4%  lb.  per  sq.   in.,   or  about  650  lb. 
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per  sq.  ft.  of  bearing  surface,  is  shown  in  Fig.  34.  This  machine 
is  operated  by  »,  45  hp.  gasoline  motor  and  has  been  in  actual 
use  for  a  number  of  years,  chiefly  in  the  West  and  ^outh.  It  is 
called  the  "  Holt  Caterpillar  Tractor." 

The  chief  feature  of  the  tractor  is  the  platform  wheel  shown 
by  Fig:  35.  Two  sprocket  wheels,  supported  by  the  frame,  serve 
to  carry  an  endless  track  consisting  of  cast  steel  rails  cut  in 
short  lengths  and  linked  together  with  manganese  steel  pins. 
To  the  bases  of  these  rails  steer  shoes  are  fastened  which  transmit 
the  weight  of  the  machine  to  the  ground.  These  shoes  are  made 
in  16r,  24-  and  30-in.  widths  so  that  the  bearing  per  unit  area 
may  be  suited  to  the  condition  of  the  ground.  The  widest  plates 
(30  in.)  •  give,  the  bearing  of  4^  lb.  per  sq.  in.,  and  the  16-in. 
plates  lessen  the  bearing  area  so  that  the  weight  per  sq.  in.  is 


Fig.   35.     Platform  Wheel   of  Holt   Caterpillar  Tractor. 

increased  to  8  lb.  For  very  soft  ground  the  shoes  may  be  pro- 
vided with  projecting  cleats  which  irfcrease  their  bearing  sur- 
face, f  _  , 

The  four  small  wheels  shown  by  Fig,  35  support  the  weight  of 
the  machine  upon  the  rails.  These  wheels  are  of  semi-steel  with 
a  cliilled  iface  and  run  on  roller  bearings.  It  wiir  be  seen  that 
this  platform  wheel  arrangement  is  a  device  for  laying  its  own 
track  in  front  of  the  wheels  and  picking  up  the  track  after  the 
wheels  pass  over  it.  .  ' 

A  general  view  of  the  tractor  is  shown  by  Fig.  34'.  The  Tna- 
bhine  is  18  ft.  long,  oyer  all,  and  weighs  about  9  tons.  The  45 
hp.  .motor,  when  traveling  at  a  speed  of  2%  miles  per  hr.,  is 
capable  of  pulling  a  load  equal  to  that  which  can  be  pulled  by 
30  hordes.     The  machine  can  turn  in  a  30-ft.  circle. 

This  tractor  will  haul  trains  of  wagons  for  construction  work. 


2S0  HANDBOOK  OP  EARTH  EXCAVATION 

road  machines  and  elevating  graders,  gang  plows,  etc.,,.  over 
roads  on  which  the  ordinary  tractor  cannot  be  worked.-:  It  is  par- 
ticularly adapted  to  the  hauling  of  plows  and  in  this  task  has 
shown  some  remarkable  records  of  earth  broken  up.  Mr.  D.  H, 
Nelson  of  Pendleton,*  Ore.,  states  that  960  acres  were  plowed  in 
32  days  to  a  depth  of  8  or  9  in.  This  was  done,  at  a  cost  of  47 
Ct.  p^r  acre,  or  more  than  20  cu.  yd.  were  loosened  for  1  ct.  A 
machiiie  owned  by  J.  J.  Hicky  of  Thornton,  Cal.,  has  plowed  3,000 
acres  in  two  seasons  and  the  repair  costs  have  amounted  to  $425. 

The  tractor  described  is  manufactured  by  the  Holt  Manufactur- 
ing Co.,  and  the  Holt  Caterpillar  Co.,  whose  New  York  offices 
are  at  50  Church  St. 

Caterpillar  Wheels.  When  wagons  are  hauled  over  soft  ground 
by  a  tractor,  not  only  the  traction  engine,  but  the  wagons  them- 
selves may  be  fitted  with  "  caterpillar "  traction  wheels.  Such 
a  wagon  train  is  described  in  Engineering  News,  May  20,  1915. 
The  traction  engine  is  of  the  three-wheel  type,  with  a  single  wide 
steering-wheel  having  ribs  to  give  it  a  hold  in  soft  ground. 
The  wagons  are  11.5  by  9  ft.  over  all,  and  5  ft.  Sy^  in.  in  height 
to  the  top  of  the  body.  ,  The  carrying  capacity  of  each  wagon  is 
about  180  cu.  ft.,  or  10  tons. 

Miscellaneous  Costs  of  Excavation  in  Construction  of  a 
Smelter.  E.  H.  Jones,  Bulletin  of  the  American  Institute  of  Min- 
ing Engineers,  July,  1914  gives  the  average  cost  of  131,371  cu. 
yd.  of  excavation  in  the  construction  of  a  large  smelter  at  Clifton, 
Ariz,  as  79  ct.  a  cu.  yd.  Teamsters  were  paid  from  $2.25  to 
$2.70  per  10-hr.  day  and  ordinary  laborer  received  $2.00  per  10-hr. 
day. 

Excavation  was  divided  into  nine  classes  according  to  haul  and 
tools  used. 

plass  1.  Shallow  excavation  with  picks,  shovels,  wheelbarrow 
and  slips.     Hauls  were  less  than  100  ft.         • 

A  trestle  approach  was  excavated  through  cemented  sand  and 
gravel  permeated  with  calcine.  All  the  work  was  done  by  hand 
us^^ng ,  picks  a|nd  shovels.  The  ex,cavated  material  was  cast  to 
the  side  of  the  holes  and  in  some  cases  it  was  handled  three  times. 
Inhere  were  277  cu.  yd.  of  earth  moved  at  a  cost  of  $1.30  per 
"cu.  yd. 

4-  t^ack  scale  foundation  was  excavated,  being  a  long  narrow 
cut  through  earth  fill  and  sand  and  gravel.  It  was  taken  out 
•with  picks  and  shovels  and  transported  200  ft.  with  slips  or  drag 
scrapers.     There  were  118  cu.  jd.  of  excavation  at  $0.92  per  cu. 

^^-     ■  '■  .  . 

A  trgstU  foundation  for  a  siding  was  excavated  through  tight 

red  soil  iilled  with  large  stones.     The  excavation  consisted  of  a 
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shallow  rectangular  cut.  It  was  picked,  shoveled,  and  wheeled 
in  barrows  50  ft.  There  were  589  cu.  yd.  of  eKcavation  at  $0.93 
per  cu.  yd. 

A  'building  foundation  was  excavated  and  the  necessary  back 
fill  tamped  in  5-in.  layers  in  the  low  part  where  the  basement  con- 
crete floor  was  to  be  cast.  It  was  done  with  picks,  shovels^  and 
wheelbarrows  in  earth,  sand  and  gravel.  There  were  322  cu.  yd. 
excavated  at  $0.89  per  cu.  yd. 

'  An  air  pipe  line  trench  with  a  large  slice  through  red  clay  and 
boulders  into  sand  and  gravel  tightened  with  calcine.  It  was 
shaken  up  with  powder,  plowed,  transported  to  a  trap  in  narrow 
gage  side-dump  cars  and  conveyed  1,000  to  2,000  ft.  by  a  narrow 
gaged  locomotive.     There  were  331  cu.  yd.  of  excavation  at  68  et. 

A  floor  foundation  for-  a  warehouse  was  excavated,  which  en- 
tailed cutting  d6wn  the  floor  of  the  warehouse  6  to  8  in.  and  back 
filling  in  places.     There  were  66  cu.  yd.  of  excavation  at  $1.96. 

Class  &.  This  type  covers  excavations  made  with  picks,  shovels, 
slips  and  carts.     The  haul  was  over  100  ft.  in  every  case. 

A  ttach  scale  i  foundation  was  excavated  in  tight  sand  and 
gravel.  It  was  done  with  pick  and  shovel  handled  in  the  cars  and 
hauled  500  ft.     There  were  388  cu.  yd.  excavated  at  $0.90. 

A,  wa,U  foundation  was  excavated,  being  a  long  narrow  cut 
through ' earth  fill  and  sand  and.grayel.  It  was  taken  out  with 
picks  and  shovels  and  transported  200  ft.  With  slips.  There 
were  60  cu.  yd.  excavated  at  $1.29. 

A  ioiler  foundation  was  excavated.  This  work  was  digging 
shallow  trenches  for  small  foundations  through  red  clay  and  small 
boulders.  The  ground  was  picked,  shoveled  and  hauled  600  ft. 
There  were  120  cu.  yd.  excavated  at  $1.65. 

,A  storage  tank  foundation  was  excavated  consisting  of  making 
a.  top  slice  to  prepare  the  site  for  foundations  of  two  500,000  gal. 
oil.  tanks.  It  was  done  with  plows,  picks,  slips  and  shovels  and 
was  hauled  150  ft.     There  were  544  cu.  yd.  excavated  at  $0.56. 

tClass  3.  This  class  covers  excavations  made  with  powder; 
picks,  shovels  and  wheelbarrows.  The  haul  was  less  than  100  ft. 
There  were  4,211  cu.  yd.  of  excavation  of  this  type  moved  at  $0.84 
per  cu.  yd. 

Conglomerate  rock  was  graded  off  in  preparing  the  site  for  a 
well.  Large  blasts  of  dynamite  were  used.  There  were  2,600 
cu.  yd.  excavated  at  $0.80.i 

Wagon  roads  were  made  for  construction  purposes.  Th^re  were 
951  cu.  yd.  of  excavation  at  $0.97. 

Water  supply  tank  foundations  were  graded,  a  3-ft.  slice  b^eing 
removed  with  powder,  picks,  shovels  and  wheelbarrows.  There 
were  116  cu.  yd.  of  earth  moved  at  $1.24.i 
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Class  4.  This  class  covers'  excavation  made  with  powder,  picks, 
shovels,  fresnos  and  carts,  The  haul  was  over  100  ft.  There 
were  15,541  cu.  yd.  of  this  type  of  excavation  moved  at  $1.00  per 
cu.  yd. 

Bin  foundations  were  excavated  through  earth,  sand  and  gravel 
bonded  with  calcine.  The  excavatiohs  consisted  of  long,  narrow, 
deep  cuts.  Powder  and  plows  were  used  to  loosen  the  ground. 
Part  of  the  work  was  done  with  slips  and  fresnos;  another  part 
by  picks^i  shovel^  and  wagons.  The  average  haul  was  600  ft. 
There  were  12,319  cu.  yd.  excavated  at  $0.99. 

Building  foundations  were  excavated  to  grade  with  fresnos 
hauling  the  earth  4S0  ft.  Deep  cuts  were  then  made  through 
red  clay  and  boulders  to  gravel  to  provide  for  steel  foundations. 
There  were  1,216  cu.  yd.  excavated  at  $1.27. 

Retaining  wall  foundations  were  excavated  throygh  2  ft.  of 
clay  followed  by  sand  and  gravel  and  boulders  with  calcine.  The 
ground  was  partly  blasted,  all  picked,  shoveled  into  wagons  and 
hauled  600  ft.'    There  were  306  cu.  yd.  excavated  at  $0.93. 

Another  retaining  wall  foundation  was  a  deep  cut  through 
sand  and  gravel  made  with  picks  and  shovels.  The  material  was 
hauled  300  ft.     There  were  404  cu.  yd.  excavated  at  $1.00. 

Class  5.  This  class  includes  excavation  with  plows,  slips', 
fresnos  and  in  some  cases,  powder.  The  haul  was  less  than  100 
ft.  There -^ere  11,210  cu.  yd.  of  excavation  of  this  type  moved  at 
$0.93  per  cu.  yd. 

Building  foundation  excavation  consisted  of  a  6-ft.  slice  to  get 
the  proper  grade  for  the  site,  together  with  piers  ..and  small  wall 
^cavation.  Earth  was  plowed  and  moved  400  ft.  in  fresnos. 
There  were  1,458  cu.  yd.  of  excavation  at  $0.82. 

Another  building  excavation  was  a  cut  55  by  280  by  10  ft.  for 
the  basement,  machine  foundation  and  piers  of  a  power  house. 
The  material  was  red  clay  and  boulders  on  top,  with  sand  and 
gravel  beneath  which  was  saved  for  concrete  material.  Powder 
was  used,  followed  by  plowing,  picks,  shovels,  fresnos  and  carts. 
The  material  was  hauled  450  ft.  There  were  7,313  cu.  yd.  ex- 
cavated at  $1.07. 

Railroad  grade  was  formed  along  each  side  of  an  oil  sump. 
There  were  2,439  cu.  yd.  excavated  at  $0.61. 

Class  6.  This  class  includes  excavation  with  plows>  slips, 
fresnos  and  in  some  oases  powder.  The  haul  was  over  100  ft. 
There  were  13,160  cu.  yd.  of  excavation  of  this  type  moved  at 
$0.89  per  cu.  yd. 

Chimney  foundation  excavation  consisted  of  a  deep  hexagonal 
cut  through  clay,  calcine  and  sand  and  gravel  containing  big 
boulders.     The    material,   was    loosened    with    picks,    moved    in 
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fresnos,  dumped  through  a  trap  into  earts  and  hauled  2,700  ft. 
There  were  597  cu.  yd.  excavated  at  $0.61. 

Building  foundations  were  excavated  through  red  clay  and 
boulders  into  sand  and  gravel  tightened  with  calcine.  The  earth 
was  a  large  slice  similar  to  sidehill  excavation.  It  was  shaken 
up  with  powder,  plowed,  fresnoed  through  a  trap  into  side  dump 
cars  and  hauled  1,000  to  2,000  ft.  by  a  narrow-gage  locomotive. 
There  were  6,330.  cu.  yd.  excavated  ft  $0.91.  ^    / 

Boiler  foundations  were  excavated  consisting  of  ^-  shallow 
trenches  for  small  walls  through  red  clay  and  boulders.  The 
earth  was  picked,  shoveled  and  hauled  600  ft.  There  were  97 
cu.  yd.  excavated  at  $0.76.  '    '  ' 

Class  7.  These  were  miscellaneous  jobs  where  a  variety  of 
methods  were  used.  There  were  58,685  cu.  yd.  of  excavation  of 
this  type  moved  at  $0.64  per  cu.  yd. 

Yard  track  excavation  consisted  of  excavation  and  borrow  in- 
cluding rock  (Gila  conglomerate),  hard  clay  soil  filled  with  lime- 
stone and"  light  loam.  Plows,  .powder,  picks,  shovels,  slips  and 
fresnos  were  used.  The  work  was  not  carried  on  continuously, 
but  the  unit  cost  represents  fairly  the  average  coat  of  shallow 
excavation.     There  were  55,405  cu.  yd.  moved  at  $0.64. 

Water  pipe  trenches  were  about  3  ft.  deep  through  red  clay 
and  boulders.  A  16-in.  wood  stave  pipe  1,104  ft.  long  was  laid 
and  backfilled.     There  were  2,406  cu.  yd.  excavated  at  $0.62. 

Steam  pipe  trenches  were  excavated  through  red  clay.  There 
were  228  cu.  yd.  excavated  at  $0.73. 

Class  8.  This  class  of  excavation  was  done  with  picks,  shovels, 
wheelbarrows  and  carts.  Excavations  for  piers  7  by  7  ft.  in  size 
were  made  from  16  to  25  ft.  deep  in  gravel.  The  dirt  was  easily 
dug  but  had  to  be  handled  from  the  lower  hklf  of  the  holes  with 
windlasses.  It  was  carted  away  at  the  top  a  distance  of  225  ft. 
There  were  1,428  cu.  yd.  excavated  at  $1.64  per  cu.  yd. 

Class  !).'•  This  includes  backfilling  and  tamping  in  4  to  5  in. 
layers.  There  were  7,195  cu.  yd.  of  excavation  of  this  type  moved 
at  a  cost  of  $0.66.  Adobe  was  backfilled  behind  a  long  retaining 
wall,  wetted  and  tamped  in  5'-in.  layers.  The  dirt  was  wheeled 
60  ft.  to  place.     There  were  972  cu.  yd.  moved  at  $0.56. 

Red  clajr  was  plowed,  hauled  in  wagons,  dumped,  shoveled  into 
a  derrick  box,  lifted  by  a  locomotive  crane  and  diimped  near  the 
place  it  was  to  be  used.  It  was  then  distributed  with  wheelbar- 
rows and  tamped  in  4-in.  layers.  There  were  3,670  cu.  yd,  moved 
at  $0.75. 

Sand  and'gi'avel  was  backfilled  behind  a  wall  .300  ft.  long.  The 
material  lay  8  to  10  ft.  from  the  wall.  There  were  129  cti.  yd. 
moved  at  $0.53. 
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.Analysis  of  Hauling.  Costs.  In  a  paper  read  by  Prof.,  T.  E. 
Agg  at  the  Good-Roada  Congress  at  Chicago,  Dec.  15,  1914,  ja 
method  of  analyzing  the  cost  qf  hauling  materials  for  construcjtion 
work  was  given.  ii.  , : 

The  fgllowing  are  the  principal  factors  affecting  the  problepi: 
(1)  length  of  haul;  (2)  rate  pf  travel;  (3)  time  lost  while  load- 
ing at  cars  and  unloading  at  the  work;  (4)  time  lost  in  travel 
on  account  of  bad  roads;  (5?  capacity  of  the  outfit  per  trip;  (6) 
cost  of  operation. 


e       3 

Dis+ance 


4         5         6 
Hauled,    Mile& 


Fig.  36.     Diagram  for  Analyzing  the  Cost  of  Different  Methods  of 
Hauling  Road  Material. 

The  following  rates  of  speed  have  been  assumed. 

For'  teams  2.5  miles  per  hour. 

For  traction  outfit,  3  miles  per  hour. 

For  motor  trucks  and  industrial  railways,  10  miles  per  hour. 

.  The  amount  of  time  lost  at  cars  depends  upon  the  method  of 
loading.  This  time  should  be  eliminated  as  far  as  possible,  espe- 
cially on  short  hauls.  The  average  loss  of  time  per  trip  in  load- 
ing and  unloading  has  been  assumed  as  follows : 

With  team  hauling,  18  min. 

With  motor, trucks   (loaded  from  bins  or  hoppers),  6  min 

Traction  outfits  and  industrial  railways,  30  min. 

Tpue  time  lost  due  to  the  condition  of  the  road  varies  with,  the 
ipiison,  the  locality  and  the  kind  of  road.  It, is  greatest  with  the 
traction  outfit,  is  about  the  same  for  team  and  motor-truck  haul- 
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ing,  and  is  a  BegligiMe.  factor  for  the  industrial  railway   (with 
locomotive).  ■  "  ' 

The  following  capacities ihave  been  assumed: 

For  team  hauling  with  wagons,  2  ton. 
Motor  truck,  5  tons. 
, ,  .Traotipii  putflts,  15  ton. 
IndlismSl  rtiilway  trains,  20  tons.  '' 

■jiiit 


sr,or;  tsTsf 


ixi.  !>.. 


Fig.  37. 


!    £    3    4    5    6    7    8 
Leng+h  of  >1aul.  Miles 
Capacity  Diagram  for  Assiuned  Conditions. 


The  cost  of  operation  of  each  of  these  out  Its  will  vary  prin- 
cipally with  the  skill  of  the  superintendent  and  the  operator,  the 
kind  of  weather,  and  the  pature  of  the  road.  It  should  comprise 
the  following  items:  .  ,    :  ,       '" 

Interest  on  investment. 

Depreciation  on  oUtflt. 

Maintenance  of  outfit.  '.::; 

Fdel,  oil,  supplies  and  labor  cost. 

The  following  values  have  been  assumed: 

For  team   (and  driver),  per.  hour,  50  ct.  ' 

For  iKkor'triifeki  per  hour,  $2.00.  .  ' 

For  traction  outfit,  per  hour,  $3.00.  ]"'' 

For  industrial  railway  per  hour,  $4.00. 

The  cost  per  ton  may  be  obtained  through  the  following  equations. 
'     ^  *       '■   ■       ■  rd     tr        '  ■         ' 

-     C=^+- 

U3        U 
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Where  0  =  cost  per  ton  tor  e:  length  of  haul  C=%d).;    i'    *. 
d  =  distance  in  miles  per  round  trip, 
u  =  tons  hauled  for  trip.      , 
s  —  spfeed  of  Tehifcle,  ini.   per  hr. 
T  =  time  lost  in  loading  and  unloading, 
r  ^  cost  of  operation  in  dollars  per  hour. 

Fig.  36  shows  a  curve  drawn  on  the  assumptions  noted.  Fig.  37 
is  a  diagram  of  .qa.pacitJfiS- based  on  the  same  assumptions. 

Methods  and'  Cost  of  Hauling.  A  formula  for  figuring  trans- 
portation costs  with  animals,  that  has  been  worked  up  by  E.  T. 
Dana,  of  the  Construction  Service!  Co.,  is  here  given. 

Speed  of  horses.  A  team  (2  horses)  can  travel  10  miles  loaded 
and  return  10  miles  empty,  or  a  total  of  20  miles,  in  10  hr.  over 
fairly  good  earth  roads;  15  miles  over  poor  ground;  and  25 
miles  over  good  macadam,  gravel,  or  paved  streets.  This  gives 
the  following  rates  of  travelling  in  ft. ;  per  min. :  Poor  roads,. 
132  ft.  per  min.;  fair  earth  roads,  176  ft.  per  min.;  best  roads, 
220  ft^  per  min.;  A  speed  of  220  ft.  per  min.,  or  2.5  miles  per  hr., 
may  be  expected  as  an  average  rate  of  teams  when  actually  walk- 
ing not  including  time  due  to  delays  and  rests!..  Cost  tables  fig- 
ured by  these  formulas  for  wagons  and  carts  are  given. 

;  FORMULA  FOR  TRANSPORTATION    ;       ^ 

,       (R.  T.  Dana) 

0  =  The  total  expense  per  day  in  et. 
w  —  The  net- load  for  the  average  trip  in  lb. 
S  =  The  speed  (average)  ■when-loaded,  in  ft.  permin. 
KS  —  The  speed,   (average),  when- returning,  in  ft.  per  min. 
D  =  The  length  of  haul  in  ft.  ^ 
1  =r  The  time  lost  in  turning,  resting,  and  wasted  for  an  average 
round  trip,  in  rain.' 
,Bt  =  iThe  total  cost  in  ot.   per  ton  for'  transportation. 
'W  =  The  numher  of  minutes  in'  the  working  day. 
L  =  A  constant  representing  the  cost  of  loading. 

The  following  facts  are  deducible  algebraically. 

D 

—  —  Time  for  a  loaded  trip  in  minutes. 
S 

D 

~  Time  for  the  empty  haul. 

KS 

D 
1  H =  Actual  time  not  occupied  in  transporting  material  in  minutes. 

K-S 

■■D 
—  -f  1  =  Average  time  for  one  round  trip  in  minu^s. 

S(i-|--) 
K 
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W 

D  1 

~  (^  +  ~)  + 1  =  Ayerage  number  of  trips  per  day.    This  value  must  be  an 

integral  -quantity  for  the  average  work  of  any  one  day. 
— ^- — — =  Average  total  amount  transported  per  day. 

-a  +  -)+i 

S  K 

D  1 

-(l+-)+l 
_       S  K 

^  —  0 =  Cost  of  transportation  per  lb. 

WW 

D  1 

-(!  +  -)+! 

■    _     s         K  ■  '  ,'•■'•        :  '    .   .■    i 

^  —  O ~ H  L  ^  Cost  of  picking,  loading  and  transporting. 

Value  of  Factors  in  Transportation  in  Formula  for  2-Horse 
Wagon  Work:  C  (  =  total  expense  per  day)  on  average  work  is 
given  in  Tables  I  and  II. 

TABLE    I.— VAiiDE    "OF    SEEVI0E8    OF   AVERAGE    HORSE 

Deprfeciation   per  'anuiim    ........ .' J  22.50 

■  ,  . '  J  Faed,  10  working  months '  @i  $15iB0  . . : i 155.00 

,  i    ,       iFeed,  2  idle  months.  @  J5.00  10.00 

Straw,  12  months  .@  ?1;00' 12.00 

--   Shoes  and  medicine,  10  working  months 20.00 

Shoes  and  medicine,  2  idle  inonths  1.00 

Interest  on  $150' ©6%  ;.;:. 9.00 

Stable  man  at  $45  p^n month  for  15  horses ...i.'J.  36^00 

Stable  rent  and  miscellaneous  , , 15.00 

Total  per  annum  ;. . .' $280.50 

Cost  per  wprking  day  (187^5  days) $1.50 

TABLE  II.—  COST  OF  TEAM  AND  DRIVER  PER  DAY 

2  horses   @    $1.50 ...•, ; i:'. $3;,000.:.i    : 

Depreciation  on  wagon   (value  $110)    ., .<< 0,124 

Interest    :..: "0.044 

Repairs , 0.150 

Miscellaneous   (including  harness)    =0.182' 

-      "^Driver 1.500 

Total  per  day  per  team  $5.00 

w  =  (the  total  loa^d.)  varies  yidely  according  ;to  the  grade,  state 
of  the  road,  arid  other  conditions.  It.^ver^ges  about  1.4  cu.  yd. 
place  measure  for  earth". 

s  =  200 ;  ks  =  240  ft.  per  min.  :,i,;i 

1  varies  greatly  mainly  according  to  the  method  of  loading  and 
the  quality  of  the  superiritehdence.  When,  the  material. is  loaded 
by  hand  it  takes  from  5  to  20 -min.,  (average  8  or  9  min.)  to  load 
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a  wagon,  depending  on  the  number  of  loaders.  t)umping  with 
bottom  dump  wagons  should  consume  no  time,  but  usually  takes 
about  0.33  min.  '  On  most  excavation  work  there  is '  considerable 
time  spent  waiting  to  get  into  position  for,  loading  due  to  the 
unequal  spacing  of  the  teams.  The  total  time  not  occupied  in 
transportation  ranges  from  S  to  30  miri.,  averaging  about  10  min. 
per  trip. 

L  for  wagon  work  equals  about  15  ct. 

The  formula  then  becomes. 

E  =  0.00382  D  ^  4.1666  —  15,  when  w  =  2.00 
R  =  0.00546  D  —  5.9523  —  15,  when  w  =  1.4 
E  =  0.00955  D  —  10.4167  —  15,  when  w  —  0.8 

TABLE  III. —  COST  OF  HAULING  WITH  2-HORSli  WAGON  IN  CENTS 
,    .      ,  PER  CUBIC  YAED 

(Wages  of  man,  15  ct.  per  hr.;  torse,  15  ct.  per  hr.) 

Length  of  haiil  ft. 
Load,  2  cu.. ,yji.  ,.. 
Load,   1.4  cu.  yd. ' 
Load,   0.8  cu.  yd. 

Capacity  of  Carts.  One-horse,  two-wheeled  dump  carts .  hold 
from  0,3  to  0.6  cu.  yd.  Over  poor  rqads  loads  of  earth, seldom 
exceed  0.4  cu.  yd.  (place  measure),  but  loads  of  0.48  cu. iyd.  of 
graveljarid  0.52  cu.  yd.  of  sand  are  common  while  0.59  cu.  yd.  and 
0.63  cu.  yd.  may  be  carried  easily.  Double  carts  and  wagons 
hold  abo,ut  twice  as  much  as  single  carts,  the  quaiitity  of  earth 
carried  being  limited  by  the  condition  of  the  road.' 

With  hauls  of  300  ft.  or  less  one  drivei-  can  attend  to  two  carts, 
by  leading  one  to  the  dump  while  the  other  is  being  loaded;  on 
long  hauls,  where  the  relative  positions  of  pit  and  dump  are 
fairly  constant,  the  horses  may  be  quickly  trained  to  travel  with- 
out a  driver.  '  f  , 

Cost  by  Carts.  The  factors  in  the  transportation  formula  on 
average  work  are  as  follows:  '' 

E=$3.25    (,=  1   horse,  $1.50 ^.depreciation,    0.083,    interest.   0.02, 
repairs,  $0.10,   on   $60   cost -f  harness   and;  miscel- 
laneous, $0.047,4- driver,  $1.50). 
vr—  0.6,  0.4  or  0,3.  ,            '  '      ,' 
s  —  200. 
ks  =  240. 
1  —     4  (3  for  loading  and  1  for  dumpine)'. 

I!  ,  W.=:  600  :  .,       ,  ,  ,  .  .  ;     , 

L  =:    15   (cost  of  picking  and  loading). 

The  formula  then  becomes: 

I , .  ,  E.=  .00827  D  —  3i6111  +  IB,  when  w  =  0.6 
B  =:  .01241  D  —  5.4167  -f- 15,  when  w  =  0.4 
E  =  .01644  D  —  7.2222 -f  IB,  when' w  =  0.3        ■• 
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TABLE    IV,— COST    OF    LOADING    AND    HAULING    WITH   1-HORSE 
CART  IN 'CENTS  BEE:  CD.  YD. 

,  ;  /  -      >■,  (^'^ees  of  man,  15  ct. '])er  hr. ;  horse,  15  ct.  per  hr.) 

Length  of  haul  ft.  ?5 

Load.   0.6  cu.  yd 18.9 

Load.   0.4  cu.  yd 20.7 

Load,  0.3  eu.  yd.   :...., 22.6 
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June  17,  1914.  "  Motor  Trucks  Cheaper  than  Teams  on  Hauling 
Gravel,"  F.  P.  Scott,  Engineering  V'ews  Record,  Ma,y  16,  1918.     ' 


CHAPTEE  VIII 

-  METHODS  AND   COST   WITH   ELEVATING  GRADERS   AND 
WAGON  LOADERS 

An  elevating  grader  consists  of  a  plow  casting  a  furrow  upon 
a  trana-versely  .traveling  belt  that  elevates  the  earth,  dumping-  it 
into  wagons  traveling  alongside  the  grader. 

In  sand  or  gravel,  where  a  plow  will  not  turn  a  good  furrow, 
the  elevating  grader  cannot  be  used.  There  must  be  few  boulders 
or  roots  to  stop,  the  plow  of  the  machine;  and  there  must  be 
considerable  room  in  which  to  turn  the  machine,  and  manoeuver 
the  teams  going  and  coming.  The  machine  is  not  well  adapted 
to  loading  wagons  on  road  work,  but  is  especially  suitable  for 
reservoir  vvork  and  the  like. 

The  machine  is  used  in  prairie  soils  for  digging  ditches  and 
carting  the  material  directly  into  the  road,  but  the  material 
must  afterward  be  leveled  with  a  leveling  scraper  or  road  ma- 
chine; and  it  would  seem  better  practice  to  use  the  road  scraper 
entirely  for  this  class  of  grading  without  resort  to  the  elevating 
grader  at  all. 

In  moving  fairly  soft  clayey  loam  of  the  Chicago  Drainage 
Canal,  with  New  Era  grader  and  wagons,  haul  being  500  ft.,  th^ 
output  was:  Section  I,  September,  485  cu.  yd.  per  10-hr.  day; 
Section  J^,  August,  490;  September,  515  cu.  yd.  per  10-hr.  day. 
The  plant  consisted  of  7  wagons,  28  horses  and  17  men  and  one 
grader.  With  wages  at  30  ct.  per  hr.  for  men  and  15  ct.  ^er 
hr.  for  a  horse,  we  have  a  labor  cost  of  $9.30  per  hr.  With  an 
output  of  50  cu.  yd.  per  hr.,  the  labor  cost  would  be  18.6  ct.  per 
cu.  yd. 

■  An  elevating  grader  costs  $1,400,  and  the  seven  dump  wagons 
cost  $1,800.  This  ^3,200  plant  we  may  assume  can  be  rented 
some  years,  and  some  it  cannot,  so  that  its  owner  may  perhaps 
estimate  using  it  or  renting  it  for  64  working  days  annually ;  with 
annual  interest,  repairs  and  depreciation  at  20%,  we  have  $640 
a  year,  or  $10  as  the  charge  to  be  made  for  each  working  day. 
The  cost  of  plant,  therefore,  adds  about  2  ct.  to  each  cu.  yd. 
moved. 

Where  the  work  is  of  great  magnitude,  the  cost  of  the  plant 
may  be  divided  by  the  total  number  of  cu.  yd.  to  be  moved  with 
it,  which  is  a  common  way  of  estimating  work  upon  the  part  of 
contractors.  Summing  up  we  may  put  the  cost  of  moving  earth 
with  elevating  graders  thus,  asBuming  an  output  of  500  cu.  yi 
moved  500  ft.  in  10  hr. : 
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Ct.  per  cu.  yd. 

10  horses  and  6  men,  on  grades  6.0 

18  horses  and  6  men  on  6  wagons  9.0 

5  men  on  the  dump  and  grubbing 3.0 

Total  labor  18.0 

Plant  rental 2.0 

Total  - 20.0 

Due  to  the  fact  that  room  must  be  had  in  which  to  move  the 
grader  and  the  string  of  teams  on  the  wagons,  we  are  not  safe^ 
in  figuring  on  a  haul  of  less  than  500  ft.  no  matter  how  short 
the  "  lead  "  actually  may  be. 

Using  three-horse  dump  wagons  holding  1.25  cu.  yd.  place 
measure  for  hauling,  an  elevating  grader  With  five  teams  and 
five  drivers  and  helpers,  and  one  man  on  the  dump  for  every  100 
cu.  yd.  delivered,  we  have; 

Rule.     To  find  the  labor  cost  per  cubic  yard  of  average  earth 
loaded  with  an  elevating  grader  and  hauled  with  three-horse  dump 
wagons,  add  together  the  following  items: 
3^0  li^.'s  wages  of  a  2-horse  team  with  driver  on  the  grader ;  - 
%-lir.''s  wages  of  a  3-horse  team  with  driver  for  "lost  time"; 
i/]0-hr.'s  wages  of  man  dumping; 

then'  add  ^^Q-hr.'s  wages  of  a  3-horse  team  with  driver  for  each 
100  ft.  of  haul  over  500  ft.  With  wages  at  30  ct.  for  labor,  15 
ct.  for  a  horse,  this  rule  becomes:  To  a  fixed  cost  of  17.5  ct. 
per_cu.  yd.  for  all  hauls  under  500  ft.  (corresponding  to  a  "lead" 
of  200  ft.),  add  1  ct.  for  each  additional  100-ft.  haul.  'To  this  add 
2  ct.  lor  plant  rental. 

Traction  Engine  and  Grader.  The  writer  kept  the  iollowing 
records  of  cost,  using  a  25  HP.  traction  engine  for  hauling  an 
elevating  grader.  Soil  was  easily  plowed  earth  taken  from  "  pits '" 
alonggide  the  railroad  fill.  The  crew  was  one  engineman,  two  men 
operating  the  elevating  grader,  one  team  on  water  tank,  nine  two- 
horse  dump  wagons,  four  ,men  on  dump  spreading,  one  water  boy 
and  one  foreman.  The  "  lead "  was  only  100  ft.  The  grader 
traveled  600  ft.,  in  which  distance  it  loaded  15  wagons  and  then 
turned  around,  the  turn  taking  1  to  2  min.  Each  wagon  had 
about  1  cu.  yd.  of  loose  earth,  equivalent  to  about  0.7  cu.  yd. 
in  "  cut,"  and  700  wagons  were  loaded  per  10-hr.  day.  It  took 
about  15  sec.  to  load  a  wagon  (the  grader  traveling  about  150  ft. 
per, min.),  then  the  grader  stopped  for  15  sec.  until  the  next 
wagon  came  up  into  place.  It  required  a  width  of  about  50  ft.  in 
which  to  turn  the  grader  and  engine.  '  Six  three-horse  wagons 
would  have  served  much  better  than  the  nine  two-horse  wagons 
used. 

The  traction  engine  uses  about  0.7  ton  of  coal  per  day  'of  10 
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hr.  Annual  interest,  repairs  and  depreciation  may  be  estimated 
a,t  20%  of  tlie  first  cost.  Ordinarily  a  tractor  can  not  be  counted 
upon  to  work  more  than  about  100  days  each  year,  year  in  and 
year  out. 

Widening;  Wheels  of  (rrader  for  Work  Over  Soft  Ground.  A 
method  of  increasing  the  Rearing  areas  of  elevating  graders  that 
should  be  of  interest  to  dirt  movers  was  employed  in  the  con- 
sti'uction  of  the  Sieberling'  Division  of  the  Lincoln  Highway 
across  the  Great  Salt  Lake  Desert  of  Utali.  Heavy  rains  made 
the  soil  so  soft  that  it  was  difficult  to  operate  the  road  ma- 
chinery.    Extra  bearings  were  accordiiigly  placed  on  the  wheels 


Fig., 3.     Paddles  on  Wheels  of  Elevating  Grader. 


of  the  elevating  graders  and  the  caterpillar  treads  of  tractors. 
On  the  graders  the  outer  ends  of  the  planks  were  supported  by  a 
ring.  Diagonal  brace  rods  extended  from  the  hubs  of  the  wheels 
to  the  planks.  The  arrangement  is  shown  in  the  accompanying 
illustration,  which  is  taken  from  Engineering  and  Contracting, 
March  19,  1919. 

Method  of  Using  Elevating  Graders  on  Earth  Roads.  In  road 
building,  an  elevating  grader  will  take  the  earth  from  the  ditch 
and  deposit  it  directly  into  the  grade  where  wanted,  in  one  opera- 
tion. Fig.  4  taken  from  the  catalog  of  the  Russell  Grader  Mfg. 
Co.  of  Minneapolis,  Minn.,  shows  the  method  of  bviilding  a  road 
grade.  The  figures  and  letters  indicate  the  order  in  which  the 
furrows  are  plowed  up  in  the  ditch  and  the  respective  points 
of  delivery  in  the  grade  by  use  of  16-ft.  carrier.     For  instance, 
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ftirrow  No.  1  indicates  tlie  first  one  handled  and  is  delivered 
about  four  ft.  across  the  center  of  the  road  to  the  point  indicated 
by  the  Fig.  1.  Furrow  A  is  taken  on  the  opposite  side  of  the 
road  and  delivered  to  a  similar  position  about  four  ft.  across  the 
center.  (This  method  is  called  crossfiring.)  Each  respective 
furrow  is  taken  out  of  the  ditch  in  the  order  numbered,  the  fifth 
and  sixth  furrows  doubling  up  in  the  center  and  the  first  plowing 
in  itself  leaves  a  substantial  grade  with  ten  furrowg  or  rounds. 
The   second   plowing   takes   out   furrows    11    to    17    respectively, 


''".'^^^^ 


Eig.  4.    Method  of  Buildingi  a  Dirt  Road  by  "  Crossfiring"  with 
an  Elevating  Grader. 

bringing  the  grade  up  to  a_  height  of  approximately  30  in. 
With  a  berm  as  shown  it  will  permit  driving  on  the  side  until 
the  grade  is  ready  for  travel.  As  the  grade  is  dressed  down  ajii 
as  the  roadbed  becomes  firmer  the  earth  will  work  out  toward 
the  edges  onto  the  berm  and  eventually  becomes  a  grade  with 
a  gradual  curve  from  the  ditch  to  the  crest.  According  to  the 
manufacturers  a  mile  of  road  such  as  shown  by  the  diagram 
can  be  built  by  17  rounds  or  hauling  the  machine  a  distance  of 
34  miles,  or  in  about  2  days'  time. 

Bata  on  Elevating  Grader  Work.  I  have  seen  700  two-horse 
wagons,  holding  %  cu.  yd.  each,  loaded  per  10-hr.  day,  and,  I 
am  informed,  that  with  good  management  and  an  easy  soil,  700 
wagons,  holding  more  than  1  cu.  yd.  each,  can  be  loaded  per  10-hr. 
day.  With  three-horse  wagons  the  average  10-hr.  day's  output  on 
the  Chicago  Drainage  Canal  was  500  cu.  yd.  of  top  soil. 

Mr.  N.  Adelbert  Brown,  C.  E.,  of  Rochester,  informs  me  that 
an  elevating  grader  was  used  by  Thomas  Holihan,  in  grading 
streets  at  Canandaigua,  N.  Y.  The  streets  were  60  to  75  ft.  wide 
between  property  lilies,  and-  36  ft.  between  curbs,  A  traction 
engine  was  used  to  haul  the  grader,  and  there  was  no  trouble  in 
turning  the  engine  and  grader  between  the  walk  lines,  which  was 
easily  within  50  ft.  of  space.  "  The  efficiency  of  the  machine  was 
not  tested  fully,  due  to  a  lack  of  teams;  but,  when  teams  were 
available,  5a  wagon  loads,  of  1%  cu.  yd.  each,  were  readily'  loaded 
in  an  hour.     The  machine  was  satisfactory  in  stone  and  gravel 
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roads  and  stiff  clay,  but  In  light  sand  in  some  cases  refused'  to 
elevate."    This  latter  is  true,  however,  of  all  elevating  graders 
'  in-  any  dry  sand  that  will  not  tijrn  a  furrow.  , 

Fred  T.  Ley  &  Co.,  of  Springfield,  Mass.,  inform  me  that  ele- 
vating graders  were  used  by  them  on  electric  railway  work  in  cen- 
tral New  York  state,  both  with  traction  engines  and  with  horses. 
TJiey  averaged  400  to  500  cu.  yd.  loaded  into  wagons  per  grader 
per  day.  i    .  ' 

-No  matter  how  short  the  lead, ;  a  teani  hauling  earth  fromi  a 
grader  riiust  perform  a  large  percentage  of  waste  labor  following 
the  grader,  and  this  is  equivalent  to  adding  about  400  ft.  to  the 
"  lead." 

,  It  is  necessary  to  spread  the  earth  on  the  dump  to  prevent 
stalling  of  the  dump  wagons,  but  by  using  a  leveling' scraper  the 
cost  of  this  item  can  be  reduced  below  the  cost  of  hand  leveling. 
In  Engineering-Contracting,  Apr.,  1906,  there  is  an  article 
by  Mr.  Daniel  J.  Hauer,  giving  costs  of  elevating  grader  worlf  on 
7  railroad  jobs.  The  limitations  of  the  grader  for  narrow  through 
cuts  are  well  shown.  The  average  cost  was  as  follows  for 
an  average  "  lead  "  of  800  ft.,  with  an  average  daily  output  of 
288  cu.  yd.  per  elevating  grader: 

^  Per  cu.  yd. 

Loading     >. .    $0,100 

HauUng ; 0.127 

Dumping  and  spreading  0.029 

Water  boy   0.002 

Foreman    0.010 

Total $0,268 

The  wages  of  the  grader  operators  were  $1.50  per  10-hr.  day; 
laborers,  $1.50;  two-horse  team  and  driver,  $4.60;  three-'htsrse 
team  and  driver,  $§.25.  The  $0,268  does  not  include  any  allow- 
ance for  interest,  repairs  and  depreciation.  This  is  probably  as 
high  '■  a  cost  for  elevating  grader  work  as  will  be  likely  to-  occur 
with;  the  same  length  of  haul  and  the  same  rates  of^  wages. 

Cost  of  Elevating  Grader  Work  on  .the  Belle  Fourche  Dam. 
In  Engineering  News,  Apr.  2,  1908,  Mr.  F.  W.  Hanna  gives  the 
cost  of  work  during  1906-07  on  the  Belle  Fourche  Dam,  Soijth 
Dakota.  The  material,  consisting  of  a  heavy  adobe' clay  with 
occasional  layers  of  shale,-  was  excavated  and  placed  by  graders 
and  wagons  and  by  steam  shovels,  cars  and  locomotives  simul- 
taneously. The  cost  of  the  steam  shovel  work  is  given  in  Chap- 
ter XIII. 

'  Two  Western  elevating  graders  of  standard  size  were  drawn 
by  16  horses  or  by  two  32  hp.  21-ton  traction  engines.  Material 
was  loaded  into  24  3-horse  dump  wagons,  .each  holding   1.1  cu. 
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yd.  of  material  as  measured  in  place-  The  water-measure  ca- 
pacity was  1.5  cu.  yd.  The  average  length  of  haul  was  appirqx- 
imately  1,300  ft.  The  material  after  being  dumped  was  spread 
with  a  6-horse  road  leveler  and  rolled  in  6-in.  layers  by  a  21-ton 
traction  engine  and  road!;roller. 

The  cost  of  common  labor  was  $2.25  to  $2.50  and  of  horses 
$1.15  per  day  of  10  hr.  Coal  cost  $10.50  per  ton  deliveredi 
The  cost  as  given  in  the :  accompanying  table  includes  superinr 
tendence  and  overhead  charges,  which  amounted  to  about  2.2  ct. 
per  cu.  yd. 

TABLE   COST  OF  GRADER  WORK  ON  BELLE  FOURCHE  HAM  EM- 
,  .  BANKMENT  FOR  1906  AND  1907. 

(Total  yardage  for  both  years,  199,000  cu.  yd.  Daily  10-hr.  average  per 
grader,  566  cu.,yd.) 

Cost  per  cu.  yd. 
Excavating  —  — 

Labor  ^,i ..; ...i...    $0,047 

Depreciation  and  repairs  .....,,.....-.      0.017 

Supplies  ■' .;...;'...;.    0.012 

.Total    excavating ; , $0,076 

Hauling  —  ' 

Labor    ^...J $0.126 

Total  hauling $0,126 

Spreading —  ,  - 

Labor ■'••■    »0.M6 

Depreciation  and  repairs  0.001 

Total   spreading    $0,017 

Rolling  — 

Labor    W-»0| 

Depreciation  and  repairs   «•"<;? 

;;     Supplies     ......:..... P-P"^ 

Total  rolling  :...'....... $0,021 

Watering  — 

Labor    , ■.-    *»•»" 

-.     Depreciation  and  repairs  ■      ""ij 

Supplies     • •,      "■"°'' 

Total   watering    ^"-"^^ 

.Grand  totals  —  - „ 

,.^„,  ,.  $0,208 

Labor    • .• nn'!4 

Depreciation  and  repairs   "•"" 

Supplies     , ■■.•'.■."■■■;  I,; 


Total 


.$0,265 


Cost   of   Stripping   a   Gravel   Pit.     George   Rathjens   in  Engi- 
neering <md  Contracting,  Jan.  19,  1910, , gives  the  following: 
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During  the  month  of  September,  1909,  the  following  record  was 
made  in  stripping  a  gravel  :pit  in  the  Dakotas.  The  pit  in 
question  was  evidently  of  glacial  origin  and  was  covered  with 
a  sandy  loam,  there  being  a  niimberof  pockets  of  varying  depths, 
the  maximum  about  10  in.  The-  length  on  the  railroad  right  of 
way  was  3,000  ft.,  the  width  50  ft.'  and  the  length  at  the  back 
2,000  ft.,  one  end  being  square  with  the  railroad.  The  contract 
called  for  stripping  a  width  of  250  ft.,  the  material  being  car- 
ried from  the  track  towards  the  back  of  the  pit  and  deposited 
in  winrows  with  a  base  of  45  ft.  A  part  of  the  material  was 
used  for  grading  the  straight  storage  tracks  paralleling  the  main 
line,  the  pit  being  on  a  curve.      '  ' 

The  outfit  consisted  of  1  Austin  grader,  6  1%  cu.  yd.  dump 
wagons,  4  No.  2  wheelers  and  2  plows.  Two  more  wagons  could 
have  been  used  to  advantage,  as  the  grader  sometimes  had  to 
wait  for  wagons. 

The  grader  usually  worked  a  strip  or  line  about  350  ft.  long 
by  35  ft.  wide,  with  an  average  haul  of  about  150  ft.,  the  longest 
haul  being  220  ft.  Wheelers  were  used  where  pockets  were  found. 
The  contractor  owned  his  teams,  but  teams  with  drivers  were 
worth  $5  per  day  when  hired.  Hay  and  other  feed  was  pur- 
chased from  nearby  farmers.  During  the  month  mentioned  the 
contractor  stripped  19,970  cu.  yd.  at  the  costs  here  given: 

.  Austin  Grader : 

2%  teams  on  push,*  24  days  at  $5  (    300 

8  teams  on  machine,  24  days  at  $5  960 

Dump  Wagons; 

5^  teams,  24  days  at  $5  660 

Wheelei's : 

3  teams  on  wheelers,  11  days  at  $5  165 

1  team  on  plow,  11  days  at  $5  <55 

1  team  on  scraper,  11  days  at  $5  55 

Labor : 

1  foreman,  straight  time  85 

1  mrfcker,  24  days  at  $2  48 

1  corral  man,  28  days  at  $2  56 

2  Austin  grader  drivers,  24  days  at  $2.25  108 

Total : $2,492 

*  Teams  on  push  operated  the  elevator,   team  power  being 
the  only  power  used 

The  coat  is  almost  12%  ct.  per  cu.  yd. 

The  total  time  was  28  days,  as  shown  by  corral  man's  pay, 
but  2  working  days  were  lost  on  account  of  rain  and  2  on  ac- 
count of  dust.  The  expense  of  feeding  teams  and  cost  of  repairs 
and  interest  are  not  included. 
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Coal  Stripping  with  an  Elevating  Grader.  Engineering  and 
Contracting,  June  10,  19L8,  describes  the  methods  employed  in 
stripping  an  SO-acre  track  of  coal  land  in  Kansas. 

The  coal  property  is  a  rectangular  piece  of  land,  (fsteliding 
throughout  .its  full  length  along  the  railroad  right  of  way.  The 
two  small  preliminary  pits  taken  out  with  fresnoes ,  comprise  the 
corner  nearest  the  railroad  and  highway.  The  remainder  of  this 
strip  bordering  tlie  railroad  was  to  be  left  to  the  last,  when  it 
would  he  taken  out  with  an  elevating  grader.  -' 

In  his  plans  the  contractor  divided  the  remainder  of  the  tract 
into  five  box-pits  about  700  ft.  longs  as  shown  in  , the:  diagram. 
The  first  of  tliese  box-pits,  to  be  stripped,  is  72  ft.  wide  at  the 
top  and  60  ft.  at  the  bottom.  .  The  next  pit  will  bottom  40  ft. 
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Fig.  5.    Diagram  of  Stripping  Operation. 

wide;  the  third,  75  ft.;  the  fourth,  40  ft.,  and  the  last,  running 
to  the  edge  of  the  property  under  lease,  60  ft. 

These  five  box-pits  will  no;t  be  stripped  in  continuous,  suc- 
cession but  alternately,  the  two  inside  pits  (lliaded  in  the  dia- 
gram) each  40  ft.  wide  at  the  bottom  and  700  ft.  long,  being  left 
until  the  last.  When  he  comfts  to  strip  the  two  inside  pits,  by 
using  a  longer  elevator,  on  his  machine,  the  contractor  expects 
to  be  able  to  cast  fully  two-thirds  of  the  material,  which  will 
be  a  very  inexpensive  operation  and  will  reduce  his  yardage  cost 
materially.     The  slopes  will  be  taken  out  eventually  with  fresnoes. 

The  average  cut  in  the  pit  now  being  stripped  is  16%  ft.,  with 
a  maximum  of  21.  ft.,  and  the -material  is  a  very  tough  gumbo- 
and  hard  shale,  covering  35  in.  of  coal.  For  stripping  the  con- 
tractor is.using  a  Western  standard  elevating  grader,  drawn  by  a 
Reeves  tractor,  loading  into  Western  1%-yd.  dump  wagons,  three 
horses  to  a  wagon.     The  cut  is-  being  made  with  one  side  per- 
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pendicular  and  the  other,  toward  the  adjoining  box-pit,  with  a 
slope  of  ^  to  1.  He  finds  eifeht  wagons  the  proper  number  for 
economical  work  and  under  favorable  conditions  can  move  from 
750  to  800  cU.  yd.  of  material  in  a  9-hr.  day.  Three-horse  teams 
are  necessary  because  as  the  pit  grows  deeper  the  load  must  be 
lifted  to  a  considerable  height.  The  wagons  work  both  ways  out 
of  the  pit,  there  being  a  dump  at  each  end. 

The  working  force  consists- of  an  engineer,  steersman  for  the 
tractor,  machine  man,  eight  drivers,  a  dump  man,  a  man  for 
the  water  team  and  a  corral  man.  The  machine  man  is  also  a 
blacksmith.  Repairs  are  made  on  rainy  days  when  possible.  The 
contractor'  acts  as  his  own  foreman.  If  the  machine  rman  is 
called  away  for  blacksmith  work  while  the  machine  is  operating, 
the  contractor  takes  his  place.  When  the  contractor  is  called 
awsiy  the  machine  man  acts  as  foreman.  This  organization  works 
9  hr.  a  day,  from  J  to  12  and 'from  1:30  to  5:30. 

A  Trap  for  loading  Cars  with  Dump  Wagons  is  described  in 
Engineering  and  Contructing,  April  16,  1919;  as  follows: 

An  interesting  method  o£,  trap  16a;ding  with  Western  dump 
wagons  was  employed  in  the  construction  of  an  8-mile  railroad  for 
t'.ie  development  of  silica  beds  near  Fowler,  Kans,     The  illustra- 


Fig.  6.     Trap  for,  Loading  Cars  with  Dump  Wagons., 


tion,  from  the  Earth  Hlover,  shows  the  method  of  loading  strip- 
ping material  which  was  used  for  ballast.  The  elevation  of  the 
hill  where  the;  stripping  took  place;  was  slightly  above  tbei  level 
of  the  platform.  In  the  platform  was  a  trap  door  on  hinges,  so 
fastened  that  it  could! be  tripped  at  will.  The  wagons  from  the 
elevating  grader  were  driven   successively  to  the   platform  and 
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dumped  npon  tlio  trap  door  without  stopping  the  teams.  After 
each  load  had  heen  discluirged  tlie  dobr  was  tripped,  letting  the 
material  fall  into  the  car  below.  Such  an  arrangement  permits 
a  free  movement  of  the  team  and  does  not  restrict  the  output  of 
the  elevating  grader.  ~  ■ 

Elevpiting  Grader  on  Railroad  Work,  Mr.  J.  R.  Taft  presents 
some  interesting  data  of  the  methods  and  cost  of  operating  an  ele- 
vating grader  on  railroad  construction  in  Engineering  News, 
Sept.  10,  1!)14.  The  use  of  this  machine  for  taking  out  railroad 
cuts  is  unusual,  as  local  conditions  generally  do  not  permit  the 
use  of  such  an  outfit,  except  for  work,  spread  over  comparatively, 
large  areas  and  of  shallow  depth.  Owing  to  the  rolling  character 
of  the  country,  consequent  long  hauls,  and  apparent  absence  of 
rock  or  stone,  the  contractor  decided  to  take  out  cuts  by  elevating 
grader  and  wagons.  The  excavation  altogether  amounted  to 
about  20,000  c  ■.  yd,  place  measure,  94%  of  this  amount  being  re- 
moved by  ^machine,  the  remaining  6%  being  unfavorable  for  ma- 
chine work  because  it  was  either  root-bound  surface  soil  or  high 
places  at  the  bottom  of  cuts.  The  work  was  done  on  the  Halit 
and  Northern  Railroad  in  Livingston  Countyj  N.  Y. 

The  machine  used  was  an  Austin  elevating  grader,  hauled  by  a 
20-ton  steam  tractor.  The  wagons  were  1^-yd.  bottom-dump 
wagons, ,  drawn  by  3  mules  each.  The  outfit  was  supplemented 
with  a  light  grading  equipment  of  Fresno,  wheel  and  drag 
scrapers  used  in  places  inaccessible  to  the  grading  machine. 

The  material  was  a  stiflf  clay,  hard  when  dry  and  plastery  and 
sticky  when  wet.  Wet  weather  prevented  vrork  in  such  material 
and  the  grading  machine  co;.ld  not  be  used  during  the  greater 
part  of  November,  December  and  January. 

A  cut  20  ft.  wide  was  too  narrow  for  the  machine  to  work  in, 
and  it  was  necessary  to  over-cut  the  prescribed  section  to  a  total 
width  of  30  ft.  Even  a,  30-ft.  cut  did  not  provide  sufficient  room 
for  loading  all  the  material  into  wagons  working  in  the  cut  when 
working  along  the  center  line.  Therefore  when  taking  out'  the 
middle  tliird  of  the  width,  considerable  re-handling  was  necessary, 
the  material  being  cast  up  on  the  sides  by  the  machine,  and  later 
raked  down  by  slopers,  to  a  position  from  which  it  could  be  again 
picked  up  and  loaded  into  wagons.  When  the  machine  was 
working  alone,  the  teams  were  used  on  light  grading  elsewhere. 
A  wagon  load  of  a  little  less  than  1  cu.  yd.  place  measure  was 
removed  for  each  6  ft.  the  machine  travelled.  Stones  embedded 
in  the  tough  material  were  caught  by  the  plow  point  and  caused 
severe  strains  to  the  whole  apparatus,  which  were  relieved  by  the 
shearing  of  the  bolts  in  the  plow  frames.  Many  hundreds  of  bolts 
were  broken  and  replaced  causing  many  unrecorded  delays  of  from 
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5  to/15  mill.  each.  The  total  tim«  of  119  days  during  whidi  the 
>maching  v/ds  working  in  the  cut  (not  including  the  removal  of 
about  4,000  cu.  yd.  from  the  marl  pit)   was  classified  as  follows: 

'  ■'■  '■  •'    '■■"    -  ■  Days  % 
Unnecessary  dela;^s. 

liACk  of,  duplicate  j)arts £  5 

•■■''';    Delays  by  "work  elsewhere  on  the  line 5  4 

11  9 
Necessary  delays. 

©eneral  repairs   6  6 

Wet  ground   43  36 

Total 49  41 

Total  delays   60  50 

'Machine  'and  opert^tion   59  50 

Total  working  time   ....^. 119  100 

Considering  the  work  as  a  whole,  it  was  not  executed  under 
favorable  conditions.  Eliminating  the  item  of  wet  ground  from 
the  total  Working  time  of  119  days,  76  days  were  consumed  in 
e.'ccavating  about  20,000  yd.,  giving  a  daily  average  of  about  260 
cu.  yd.  In  areas  that  were  not  so  constricted  about  twice  this 
outp..t  might  be  ejtpeeted. 

The  daily  cost  of  operations  was  as  follows : 

(A)    At  Working  Point 

Forfetoan  (member  of  firm) J  6.00 

Tractor  en'gineman ' > 4.00 

Tractor    steersman    2.00 

Machine   operator 3.00 

Tank-wagon    driver    ,  2.00 

Extra  tank  wagon  with  driver   5.50 


Total $22.50 

Fuel,  oils,  etc.,  fortractor  5.00 

Six  dump-wagon  drivers,  at  $2  ^ 12.00 

iTwo  dumpmen,  at  $2.26; 4.50 


$21.S0 


Total  at  working  point $44.00 

<B)    At  Camp 

One  blacksmith   ; $  3.00 

One  barnman  at  $40  per  month  and  board  2.00 

One  cook  at  $40  per  month  and  board  2.00 


Total    ;........; $  7.00 

Corral  expenses  for  25  head  of  mule  stock  20;00 


Total  at  camp $27.00 


Total  of  (A)  and  (B)    $71.00 

For  insurance,  interest,   depreciation,  etc.,  12%% 9.00 


Grand  total   . . , $80.00 

Assuming  $80  as  a  fair  figure  for  daily  expenses,  the  cost  of 
moving  260  cu.  yd.  per  day  was  about  31  ct.  per  cu.  yd.     Board 
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with  lodging  in  camp  was  furnished  the  men  at  $4.50  per  week, 
which  was  practically  at  cost.  Corral  expense  was  based  on 
oats  at  64  ct.  per  bushel,  loose  hay  at  $21  per  ton,  and  straw  at- 
$10  per  ton;  all  hauli^ge  by  the  contractor.  ' 

Tractors  for  Fulling  Graders.  Prof.  A.  B.  McDaniel  in  Engi- 
neering Record,  July  31,  1915,  gives  the  comparative  cost  of  using 
animals  and  gasoline  tractors,  for  pulling  eleVatirig  graders. 
His  estimate  is  based  on  average  working  conditions  on  road 
construction  in  comparatively  level  country,  where  the  earth  is 
to  be  removed  from  the  side  of  the  road  to  the  center.  The  de- 
tailed estimate  and  cost  is  given  as  follows: 

COMPARATIVE  COSTS  OP  EXCAVATION  WITH  ANIMAL  POWER 
AND  GASOLINE  TRACTOR 

ABimal  Power 

7  teams,  at  $2.50 $17.56 

2  drivers,   at  $2.50   , 5.00 

1  .  operator    3.00 

Total  labor  cost   $25.60 

General: 

Interest  on  investment  at  6%   $  1.20 

Depreciation,  based  on  10-yr,  life  2.00 

Repairs  and  general  expenses   1.30 

Total   general   expenses    $  4.50 

Total  cost  for  10-hr.  day  $30.00 

Excavated  per  day   800  cu  yd. 

Cost  per  c.u.  yd 3.75  ct. 

Gasoline  Tractor 
Labor : 

1  engineer $  5.00 

1  operator 3.00 

Total  labor  cost $8.00' 

Power : 

Gasoline,  30  gal.,  at  15  ct $  *.50 

Cylinder  oil,  1%  gal.,  at  36  ct. 0.54 

Grease,  2  lb. 0-2" 

Repairs,  waste,  etc. 0-'° 


Total. power  cost ?  ' 


.00 


General:  . 

Interest  on  iijvestment  at  6% $2.40 

Depreciationr  based  on  10-yr.  life  4.UU 

Repairs  and  general  expenses  1°" 

Total  general  expenses ■    $  8.00 

Total  cost  for  10-hr.  day  •  •  ■  •  •    $2-!.00 

Excavated  per  day 1.000  ou._^yd. 

Cost  per  cu.  yd ..,i.iet. 

When  it  is  necessary  to  carry  the  earth  along  the  road,  as  in 
the  making  of  cuts  and  fills,  dump  wagons  must  be  used.     For 
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a  haul  of  300  ft.,  one  elevating  grader  can  handle  five  1%-yd. 
wagons,  and  one  additional  ~ wagon  is  needed  for  each  100  ft. 
in  additional  length  of  haul.  If  the  cost  of  a  wagon  and  driver 
is  $5  per  10-hr.  day,  and  of  a  foreman,  $3  per  day,  the  cost  will 
be  increased  from  about  8  to  12  ct.  per  cu.  yd. 

A  New  Excavating  Machine^  Engineering  and  Oontraotimg, 
Jan.  6,  1916,  describes  the  excavator  shown  in  Fig.  7j  the  essential 
features  of  which  are  gang  plows  and  a  scoop;  The  machine 
plows  seven  furrows,  6  to  12  in.  deep,  and  the  scoop  handles  56 
cu.  ftj  at  each  trip.     The  machine  is  designed  for  loading  earth 


^Fig.  7.     New  Type  of  Elevating  Grader.     Made  by  L.  C.  Wood  & 
Co.,  Alden,  la. 


into  dump  wagons  in  railway  grading,  reservoir  dam  construc- 
tion-, and  in  ditching  for  irrigation  and  road  work. 

It  is  operated  by  a  3.5-lip.  double  cylinder  traction  engine,  con- 
structed with  a  winding  drum  and  anchors  so  that  the  engine 
remains  stationary  while  the  excavator  is  in  operation.  The  ma- 
chine is  drawn  ahead  about  7  ft.  for  a  load  then,  without  stop- 
ping the  engine,  the  scraper  is  unlocked,  fills'and  is  drawn  up  the 
track  and  dumped  onto  the  conveyor.  The  conveyor  discharges 
into  dump  wagons  at  either  side  of  the  machine. 

The  naachine  is  8  ft.  wide  and  38  ft.  long.  It  weighs  about  12 
tons.  ; About,  150  ft.  of  li^-in.  steel  cable  is  used  so  there  can  he 
several  loads  handled  without  moving  the  engine.     The  machine 
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is  drawn  from  place  to  place  behind  the  traction  engine.  It  is 
ready  to  work  as  soon  as  the  motor  on  the  machine  is  started, 
and  begins  loading  as  soon  as  the  engine  is  unhooked,  the  cables 
hooked  together  and  the  engine  run  out  to  the  end  of  the,  cable. 
The  small  motor  on  the  machine  furnishes  power  to  operate  the 
conveyor,  to  control  the  plows,  to  steer  the  machine  and  to  raise 
and  lower  the  front  end  of  the  machine.  When  the  machine  is 
working  the  front  wheels  are  on  top  of  the  ground  and  the  rear 
ones  travel  behind  the  scraper  where  the  plowing  has  been  picked 
up.    The  machine,  therefore,  always  works  on'the  level. 

In  operation  one  man  is  required  on  the  machine  and  two  on 
the  engine.  The  engine  is  of  special  design  for  operating  the  ma- 
chine. Both  are  built  almost  entirely  of  steel  and  steel  castings. 
The  machine  is  constructed  to  handle  very  liard  material,  such 
that  if  plowed  with  teams,  three  or  four  teams  would  be  requirfed 
on  a  single  plow.  A  full  load  is  handled  in  20  sec.  and^n  service, 
from  80  to  100  loads  are  handled  per  hour. 

A  Wagon  Loading  Trailer.  The  Insley  Mfg.  Co.  make  the  ma- 
chine shown  in  Fig.  8.  This  machine  is  hooked  to  the  back  of  a 
wagon  after  the  roadway  has  been  torn  up  by  the  rooter  plow, 
and  the  four-horse  plow  tieam  is  used  as  a  snatch  team  in  grading 


Fig.  8.     Wagon  Loading  Trailer. 


and  loading.  This  machine  will  load  6'  wagons  of  U^  cu.  yd. 
capacity  in  20  min.  and  shovild  average  24  cu.  yd.  per  hr.,  taking 
the  place  of  12  shovelers  and  loading  a  wagon  in  one-half  the 
time. 

Bucket-Elevator  Wagon  Loader.  A  machine  of  this  type  is. 
made  by  the  George  Haiss  Mfg.  Co.  of  New  York.  This  is  a 
bucket  conveyor  mounted  oh  a  steel  frame  wagon  body  and  op- 
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erated  by  a  7%-hp.  motor  or  gasoline  engine.  The  machine 
weighs  3000  lb.  and  is  designed  for  use  on  storage  piles  and  in 
sand  and  gravel  pits.  Cost  data  on  its  use  in  handling  gravel 
from  a  storage  pile  are  given  in  Engineering  and  Gontraoting, 
May  16,  1917.  Comparative  test  of  this  work  by  hand  labor  and 
by  the  use  of  the  loading  device  showed  the  following  results: 

Hand  labor.  .        , 

Loading  wagons,  8  laborers,  3  yd.,  13.00  min.  @  $0.25  '. $   435 

Loading  auto  truck,  8  laborers,  2%  ydr,  10.00  min.  @  $0.25 : .415 

Cost  of  auto  truck  @,  $1.00  per  hour .160 

'Gost  per  5%  yd. $1,010 

Cost  per'yd. 184 

Wagon  loader. 

Loading  wagons,  2  laborers,  3  yd.,  4.8  min.  @  $0.5   $  ,040 

Loading  auto  truck,  2  laborers,  2%  yd.,  4.0  min.  @  $0.26 .033 

■Cost  of  auto  truck  @  $1.00  per  hr 066 

Power  @  %  et.  per  cu.  yd., 028 

Oil,  grease,  interest  on  investment  010 

Cost  per  5%  yd $0,177 

Cost  per  yd $.032 

Cost  per  yd.  hand  labor .184 

Cost  per  yd.  machine  032 

Amount  saved  per  yd .,■ <• $0,152 

The  above  saving  is  entirely  exclusive  of  supervision  and  over-, 
head  charges.      ^  .  . 


Fig.  n.     Haiss  Bucket  Elevator  for  Loading  Wagons. 
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Tho  digging  or  feeding  device  used  with  the  Haiss  loader  is 
shown  in  Fig.  10.  ^ 

Loading  machine  for  Surface  or  Underground  Work.  A  load- 
ing machine,  specially  designed  for  underground  work,  has  been 
placed  on  the  market  by  the  Wellman-Seaver-Morgan  Co.,  Cleve^ 
land,  0.  This  machine  digs  loose  ore,  dirt  -or  muck  by  a  con- 
tinuous scooping  process -^  the  material  being  taken  up  by  scoops 
or  buckets  on  an  endless  chain  elevated  and  dropped  into  a  hop- 
per which  feeds  to  a  conveyor  belt  which  'in  turn  loads  into  a 
car.    The  scooping  mechanism  is  so  pivoted  that  it  can  dig  to  the 


Fig.  10.     Propeller  Feeding  Device  on  Bucket  Elevator  Loader. 

side  as  well  as  in  front  of  the  .machine.  The  ore,  however,  being 
delivered  to  the  conveyor  throu -Ji  the  hopper,  Teaches  the  car 
behind  the  loader  no  matter  at  what  angle  the  scoop  is  .working. 
The  movement  of  the^scoops  is  continuous  —  not  reciprocating. 
The  machine  is  self-propelled  and  is  so  dimensioned  that  it  can 
^easily  be  transferred  around  the  mine.  It  is  claimed  that  it  will 
load  at  the  rate  of  over  a  ton  a  minute  and  may  be-operated  by 
unskilled  labor.  While  designed  particularly  for  underground 
work,  the  loader  can  also  be  used  on  the  surface  for  loading  coal 
from  piles  to  cars,  removing  piles  of  rock  and  sand  and  similar 
operations.     The  loader  is  fitted  With  motors  wound  for  2.30  volts, 
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Fig.  U.    McDermott  Continuous  Loading  Machine. 


Fig.  12.     Scoop  Conveyor. 
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D.  C,  providing  power  for  all  of  the  operations.  The  general  di- 
mensions of  the  loader  are  as  follows: 

Ma,ximum  overall  length,  15  ft.  9  in. ;  maximum  height,  5  ft. 
6%  in.  with  buckets  in  lowest  position;  maximum  overall  height, 
6  ft.  7 j^  in.,  when  machine  is  in  operatioi^j  maximum  overall 
width,  4ft.;  gauge  of  truck  wheels,  24  in.  Maximum  rated  ca- 
pacity with  full  buckets  is  1.75  tons  per  min.  and  the  average 
rated  capacity  is  45  tons  per  hr.  The  weight  of  the  complete 
machine  is  8,000  lb. 

A  Scoop  Conveyor  for  loading  and  Piling,  made  by  the  Port- 
able Machinery  Co.  of  Passaic,  N.  J.,  is  illustrated  in  Fig.  12. 
The  capacity  is  said  to  be  one  ton  per  minute. 


■  uli 


Fig.  13.     Undercutting  Method  of  Feeding  Conveyor. 

An  Undercutting  Bucket  Conveyor  loader,  made  by  the  ^arber 
Green  Co.  of  525  West  Park  Ave.,  Aurota,  111.,:  is  shown  in  J  Fig. 

13.  ;'  •        -'  ■   ■   •     M      ■ 
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•  CHAPTER  IX 

METHODS  AND  COSTWITIJ  SCRAPERS  AND  &RADEES 

Probably  some  fbrifi  oi  log  drag  has  been  used  for  leveling 
ground  since  men  have  known  hove  to  plovc.  A  board  yritU  han- 
dles served  the  purpose  of  the  log'  drag  and  was  more  easilj' 
dumped.  From  this  was  evolved  the  buck  scraper  to  which  were 
fitted  wood  sides  and  back  to  ijicrease  its  capacity  until  it  became 
a  scoop.  This  in  turn  was  followed  by  the  steel  scoop  in  various 
forms.     For  long  hauls  the  scoop  was  fitted  with  wheels. . 

Cables  and  hoisting  engines  Were  used  first  to  assist  the  horses 
in  filling  scrapers  and  after  that  for  moving  them  "as  well.  This 
permitted  the  use  of  larger  and  heavier  buckets.  Thus  the  evo- 
lution of  the  present  dragline  excavator  can  be»  traced,  step  by 
step,  from  the  early  horse  drawn  leveling  devices. 

FJ-om  the  log  drag  also  evolved  the  leveling  scraper  or  earth 
hone.  The  largest  size  consists  of  a  long  blade  carried  in  a 
frame  on  four  wheels,  and  is  called  a  road  grader  or  road  ma- 
chine. 

An  elevating  grader,  or  grader,  is  an  entirely  different  type  of 
machine.  It  has  a  plow  that  delivers  the,  earth  onto  an  inclined 
e.ndless  belt,  as  shown  in  Chapter  VIII. 

Buck  Scrapers.     The  buck  scraper  was  originally  an  upright 


Fig.    1.     Buck   Scraper.     Width   48   In.,   Weight   75   Lb 
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board  about  8  ft.  long  and  2  ft.  high,  shod  at  its  lower  edge  with 
iron,  provided  with  a  tongue  for  the  team  in  front,  and  a  platform 
at  the  rear  upon  which  the  driver  could  stand.  During  loading 
the  driver  would  stand  on  this  platform,  and  if  the  soil  was  at 
all  tough,  one  or  two  more  men  would  add  their  weight.  Upon 
reaching  the  proper  place  on  the  embankment  the  driver  would 
step  off  the  platform  and  the  scraper  would  flop  over  or  dump 
automatically.  A  buck  scraper  of  this  size  requires  four  horses 
to  pull  it.  The  material  is  not  carried  by  any  scoop  or  bowl  as 
with  the  drag  scraper,  but  is  pushed  or  "drifted"  along  in  front 
of  the  blade.  The  modern  road  machine,  in  which  the  blade  is 
■supported  by  a  framework  carried  by  four  wagon  wheels,  is  a 
development  of  the  buck  scraper.  So  also  is  the  smaller  leveling 
scraper. 


Fig.  2.     Tongue  Scraper. 
(Weight  120  lb.) 

Scrapers  in  Ditch  Excavation.  From  Engineering  and  Oon- 
traoting,  J\me  23,  1909. 

The  simplest  tool,  beside  the  pick  and  shpyel,  with  which  a 
trench  or  ditch  can  he  excavated,  is  a  scraper.  .  In  narrow 
trenches  and  ditches  a  drag  scraper  is  used.  Shallow  trenches  can 
be  excavated  entirely,  excepting  the  trimming  up,  with  a  drag 
scraper.  But  for  deep  trenches,  either  a  long  run  has  to  be 
made  to  overcome  the  grade,  or  a  very  steep  grade  has  to  be  as- 
cended with  the  loads.  This  naturally  makes  an  economic  li^it 
for  this  work.  The  writer  has  used  drag  scrapers  for  trenching 
and  has  found  in  the  country  that  deep  trenches  could  he  exca- 
vated cheaply  by  first  excavating  from  4  to  6  ft.  with  drags, 
making  a  slope   on  the  sides   of   the  trench.     This   slightly  , in; 
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creases  the  yardage,  but  the  scraper  work,  witTi  a  short  run,  is 
done  at  a  low  cost,  and  by  sloping  the  top  of  the  banks,  much 
inoney  is  saved  in  the  sheathing  which  is  an  important  item, 
especially  when  timber  is  used. 

Fig.  2  shows  a  drag  scraper  called  a  tongue  Scraper,  This 
scraper  is  made  of  wood  bound  with  metal  and  derives  its  name 
from  the  fact  that  a.  tongue  is"^  used  in  it,  while  with  other  drag 
scrapers  a  tongue  is  not  needed.  The  tongue  scraper  is  operated 
in  a  manner  similar  to  a  drag  and  although  it  can  be  used  in  a 
trench  to  advantage,  especially  at  the  top,  yet  it  does  its  best 
work  in  shallow  ditches,  and  is  an  excellent  tool  for  cleaning  out 
trenches. 

Fig.  3  shows  a  Haslup  side  scraper,  manufactured  by  the 
Sidney  Steel  Scraper  Co.,  of  Sidney,  Ohio.     It  is  meant  entirely 


Fig.  3.     Haslup  Side  Scraper. 

for  ditch  work,  although  it  can  be  used  in  shallow  trenches.  It 
gets  its  name  from  the  fact  that  its  shape  allows  it  to  go  out  the 
side  of  a  ditch,  instead  of  moving  along  in  the  ditch  arid  go  out 
at  a  runway  as  a  drag  scraper  has  to  be  worked.  The  side 
scraper  does  rapid  work  in  making  shallow,  narrow  ditches  and 
also  in  cleaning  out  ditches.  It  can  also  be  used  in  wider 
ditches.  It  is  made  of  metal  like  a  drag  scraper,  and  the  shape  of 
its  handle  facilitates  its  work. 

Unless  the  material  is  very  soft  or  sandy,  in  ^sing  all  of  these 
scrapers  it  is  necessary  first  to  loosen  the  earth  in  the  trench 
or  ditch  by  plowing  or  some  other  means. 

Cost  Data  on  Use  of  Buck  Scrapers.  Geo.  J.  Specht,  to  whose 
paper  on  earthwork  reference  was  previously  made,  used  buck 
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scrapfers  in  moving  very  large  quantities  of  eartli  in  building 
levels  and  in  digging  small  canals  in  California  in  1882  to 
1884.  His  records  of  cdst  are  the  most  complete  to  be  found  in 
print.  Horses  were  hired  by  the  contractors  at  37.5  ct.  to  50 
ct.  per  day  per  head,  and  feed  cost' 35  to  40  ct.  Chinamen  were 
employed  as  common  laborers  at  $1.15  per  day,  and  white  la- 
borers as  drivers,  etc.,  received  the  same  plus  their  board,  which 
cost  40  ct.  a  day  for  food  albne.  Although  most  of  the  soil  was 
sandy  loam,  four  to  eight  horses  were  hitched  to  a  plow  with  one 
driver  and  one  man  holding  plow. 

On  the  Upper  San  Joaquin  Irrigating  Canal,  which'  was  cut 
into  a  steep  side  hill,  the  buck  scrapers  with  four  horses  attached 
traveled  400  ft.  in  making  a  round  trip,  and  went  loaded  down 
a  slope  of  about  1  in  4,  returning  uphill  empty  —  an  unusually 
favorable  condition.  Mr.  Specht  says  that  95  round  trips  were 
made  in  9  hr.  by  each  buck  scraper,  and  as  the  result  of  a  great 
many  observations  he  found  the  average  load  to  be  1.3  cu.  yd., 
aHhiough  as  high  as  1.64  cu.  yd.  in  one  case.  He  gives  128  cu. 
yd.  as  the  average  daily  output  of  each  buck  scraper.  It  should 
be  observedj  however,  that  the  material  was  all  pushed  down  a 
very  steep  hill.  From  the  foregoing  it  appears  that  it  took  5.7 
min.  to  make  a  round  trip  of  400  ft.,  which  is  equivalent  to 
a  speed  of  70  ft.  a  minute,  including  stops.  This  is  so  extra- 
ordinarily slow  that  we  are  very  much  inclined  to  believe  that 
the  actual  speed  was  greater,  but  that  each  load  was  very  much 
smaller  than  given  by  Mr.  Specht.  Mr.  Specht  gives  the  follow- 
ing data  of  cost  for  Nov.,  1882;  27%  days  worked: 

fi-horse  plow  (with  2  men)   29%  days  at  $9.00 $   265.50 

4-horse  plow   (with  2  men)   15%  days  at    7.00. 108.50 

*-h'OTse  buck-scraper  (with  1  man). ..409      days  at  $5.50'... 2,249.50 

2-horse  drag  scraper   (withl  man). ..130%  days  at  $3.50 -  456..75 

White  man  on  dump  33      days  at    1.50 49.50 

GKinese   laborers  ■ . .  .■ 328      days  at    1.50 492.00 

Chinese  bosses  18      days  at    2.00 36.00 

$3,657.75 
Qeneral  expenses   (foreman,  bookkeeper,  blacksmith  and  hostler)..        300.00 

65,925  cu.  yd.  excavated  at  7  ct $3,957.75 

•  Note. —  The  drag  scrapers  were  used  to  bring  part  of  the 
material  up  from  the  bed  of  the  canal  and  deliver  it  to  the  buck 
scrapers;  ^ and  in  doing  this,  where  the  round  trip  traveled  by  a 
dra^  scraper  was  225  ft.,  the  output  of  each  drag  was  18  cu.  yd. 
in  9  hr.,  which,  it  should  be  observed,  was  an  exceedingly  low 
output.  Deducting  material  moved  by  drags,  we  see  that  still 
each  buck  scraper  moved  130  cu.  yd.  in  9  hr. 

The    foregoing    was    for    November,    1882,    but    the    following 
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January,  42,241  cU.  yd.  were  moved  in  22  days  at  about  the 
same  rate,  although ,  there  was  a  epst  of  about  %  ct.:  more  per 
CU.  yd.  for  plowing  and  1%  et.  more  per  cu.  yd-  for  additional 
Chinese  labor,  presumably  ,  for  grubbing  roots  and  trimming 
slopes,  although  not  so  stated,  '        . 

In  February  somehardpan  was  encountered,  adding  still  an- 
other 1%  ct.  per  CU.  yd.  for  powder,  etc.,  distributed  over 
the,  80,000  eu.yd.  moved  that  month, 

,-  In  the  year  of  1884  Mr.  Specht  built  levees.  Material  was 
largely  sandy  loam  with  some  adobe,  and  the  "  lead  "  was  about 
70  ft.;  90%  of  the  material  was  drifted  up  a  1  in  4  slope,  using 
buck  scrapers.  The  first  70,000  cu.  yd.  was  moved  at  the  rate 
of  55  CU.  yd.  a  day  per  buck  scraper;  the -slow  rate  being  due 
largely  to  inexperience  of  contractors.  Later  the  same  contractors 
moved  294,000,  cu.  yd.  at  the  rate  of  90.5  cu.  yd.  per  buck  scraper 
a  day.  The  first  month,  when  the;  levee  embankments  were  being 
started,  the  cost  was  about  10  et.  per  cu.  yd.,  but  the  second 
month,  when  the  levees  had  grown  higher,  the  cost  was  about 
12  ct.  per  cu.  yd.  -The  rent  and  feed  of  horses  we  have  assumed 
at  $1  a  day,  and  wages  of  labor  and  board  at  $1.50;  but  Mr. 
Specht  fails  to  state  the,  number  of  men  and  rate  of  wages,  giving 
sum  totals  only,  and  we  may  be  slightly  in  error  in  making  this 
last  assumption. 

Drag  Scrapers.  A  drag  scraper,  or  scoop,  or  "  slip,"  or 
"  slusher,"  is  a  steel  scoop,  not  mounted  on  wheels,  for  scooping 
up  and  transporting  earth  short  distances,  and  is  drawn  by  a 
team.  Occasionally  a  small  scraper  drawn  by  one  horse  is. used, 
but  not  so  economically.  The  ordinary  No.  2  "  drag "  weighs 
about  100  lb.  and  can  be  pulled  full  up  a  3  to  1  slope.  While  the 
listed  capacity  in  some  catalogues  is  as  high  as  7  cu.  ft.  for  a 
No.  1  and  in  other  at  5.5  cu.  ft.,  and  for  a  No.  2,  4.5  to  5  cu.  ft., 
-  actual  measurement  will  quickly  show  that  such  listed  capacities 
are  excessive,  except  upon  the  assumption  that  the  scraper  is 
heaping  full;  and  even  then  it  should  be  remembered  that  the 
earth  is  loose,  and  about  20%  must  be  subtracted  from  the 
loose  volume  to  get  measurement  in  cut.  Trautwine  overlooked 
the  shrinkage  item  and  assumed  the  listed  capacities  to  he  cor- 
rect. Of  course,  many  of  the  loads,  even  in  ordinary  soil,  are 
not  full  loads;  and  frequently  in  stony  or  rooty  soil  the  load  is 
lost  by  accidental  d\miping  before  the  embankment  is  reached- 

Trautwine's  table  of  cost  is  based  on  loads  of  0.2  cu.  yd.  place 
measure  ('which  is  about  double  the  actual  average),  and  he 
estimates  a  speed  of  150  ft.  a  minute  with,  15  ft.  added  to  the 
lead  for  turning  around  —  although  too  small  an  allowance  for 
short  leads.     The  actual  speed  is  about  220  ft.  a  minute,  and  the 
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lost  time  in  loading  and  dumping  (which  Trautwine  entirely 
overlooks)  is  ^  to  ^  a  minute.  As  evidence  of-  the  falsity  of 
Trautwine's  assumptions  we  need  but  call  attention  to  the  fact 
that  it  is  impossible  to  move  220  cu.  yd.  in  10  hr.  with  one  scraper 
as  given  in  his  tables  on  a  40-f t.  "  lead."  The  author  has  never 
seen  an  average  of  one-third  that  amount  maintained,  and  his 
records  of  cost  of  moving  .60,000  cu.  yd.  of  "  easy  gravel "    (lit- 


Fig.  4.    Drag  Scraper  MaAe  by  American   Steel  Scraper  Co., 
Sidney,'  Ohio.  ' 

No.  1.  Capacity  7  cu.  ft. 
No..  2.  Capacity  5  cu.  ft.       , 
No.  3.  Capacity  3  cu.  ft. 

tie  plowing  required)  show  that  the  average  output  per  scraper 
was  62  cu.  yd,  in  10  hr.  with  a  lead  of  50  ft.  and  embankment 
8  ft.  above  bottom  of  pit.  .  t'nder  the  same  conditions  where 
stiff  Clay  was  moved  tlie- ou'tput  was  40  cu.  yd.  in  lO  hr.  per 
scraper,  where  20,000  cu.  yd.  were  moved. 

Kllwbod   Morris    found   the    average    capacity    of   the   wooden 
scraper  used  in  his  da^   (1841)   to  be  0.1  cu.  yd.  place  measure. 
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and  he,  allowed  1.33  min.  lost  time  lin'  loading  and  turning  each 
round  trip,  and  assumed  a  speed  of  140  ft.'  a  minute..  The  au- 
thor's experience  agrees  substantially  with  his  in  all  but  the 
speed,  which  the  author  finds  to  he  50%  greater.,.  Ki  is  a  very 
easy  matter  to  err  in  estimates  of  speed  on  short  hauls,  where 
teams  are  continually  stopping  for  one  thing  or  another.  While 
actually  walking,  unless  the  drivers  .loaf,  the  speed  of  scrapers 
is  almost  as  great  as  wagons.    . 

In  this  connection- it  should  be  noted  th^t  most  of  the  data 
given  by  Mr.  Morris  are  still  usable  although  nearly  SO  years  old. 
His  original  paper  was  published  in  the  Journal  of  the  Franklin 
Institute  in  1841.  * 

In  working  drag  scrapers  on  the  ordinary  short  leads  there  are 
usually  3  teams  traveling  in  a  circle  or  ellipse  of  about  150  ft. 
circumference,  so  that  each  teanL^has  about  50  ft.  to  itself, 
which  jLs  none  too  much.  One  man  loads  the  scrapers'  as  they 
go'  by,  and  each  driver  dumps  his  own  scraper.  It  is  evident 
that  with  a  "lead"  of  only  25  ft.,  the  actual  haul  from  pit  to 
dump  is  75  ft.,  yet  for  a  lead  of  25  ft.,  Trautwine  assumed  the 
low  allowance  of  15  ft.  more,  instead  of  50  ft.  for  manoeuvering 
the  teams.  The  actual  loads  of  drag  scrapers  average  for  tough 
clay  ^0  cu.  yd.,  for  gravel  ^  cu.  yd.,,'a!nd  for  loam  %  cu.  yd. 

Eailway  Work  with  Scrapers.  'Bearing  out  the  author's  ex- 
perience may  be  cited  that  of  J.  M.  Brown  (see  Trans.  Iowa  Soo. 
of  Engineers,  1885).  In  building  a  railroad  em^^kment  (Iowa) 
2  ft.  high,  20  ft.  wide  at  the  base,  the  distance  from  the  center  of 
the  borrow  pits,  at  the  side  to  the  center  of  the  fill  was  33  ft. 
Large  drag  scrapers  holding  4  cu.  ft.  of  earth  when  full  but  3  cu. 
ft.  of  %  cu.  yd.  on  an  average  were  u^ed.  Each  team  made  a 
trip  in  l.o  minutes,  and  60  cu.  yd.  moved  per  scraper  was  a  good 
10-hr.   work. 

One  plow  was  used  requiring  at  times  one  team,  at  times  two 
teams  (average  1.5  ^eams),  loosened  360  cu.  yd.  in  .10  hr.  One 
»man  to  every  two  scrapers  was  required  to  load  them,  and  one 
man  to  every  six  scrapers  ,  to  dump  them.  There  was  one  fore- 
man to  each  of  these  gangs.  [N.B.^The  author's  experience  has 
generally  been  that  one  man  is  needed  to  load  these  scrapers,  and 
no  man  is  required  to  dump  them,  the  driver  doing  that;  but  it 
is  generally  well  to  figure  in  another  man  to  every  three, teams 
to  be  used  in  grubbing  sinall  roots,  etc]  Thus  with  a,  33-ft. 
"lead"  Mr.  Brown's  experience  was  that,  includiiig  foreman,  it 
costs  10  ct.  per  cu.  yd.,  wages  being  15  ct.  per  hour  for  men 
and  35  ct.  for  teams  \yith  driver.  To  this  he  recommends 
adding  3  ct.  for  each  added  33  ft.  of  "  lead  "  which  is  erroneous, 
the  error  arising  from  his  failure  to  see  , that  the   "lost  team 
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time"  in  loading  and  dumping  is.  no  more  for  a  lead  of  100  ft. 
than  for  a  lead  of  33  ft. 

Diking  with  Scrapers.  In  diking  several  miles  of  a  creek  the 
writer  kept  careful  record  of  the  cost  of  excavating  55,500  cu. 
yd.  of  sandy  gravel  measured  in  cut  taken  from  the  bottom  , of 
the  dry  creek  bed.  This  material  was  excavated  by  1,040  team- 
days  (with  driver)  and  900  man-days  of  10  hours  each,  at  a  total 
cost  of  $5,000,  wages  being  $3.50  a  4ay  for  teams  with  driver  and 
$1.50.  for  men,  which  is  equivalent  to  9  ct.  per  cu.  yd.  Drag 
scrapers  were  used,  three  in  a  "^string"  traveling  in  a  circle 
about  150  ft.  around,  although  the  "lead"  was  but  50  ft. ,  The 
bottbm  of  the  creek  was  50  ft.  wide  and  excavated  to  a  depth;  of 
about  2  ft.,  the  material  being  placed  in  dikes  on  each  side,  the 
tpp  of  the  finished  dike  being  9  ft.  ^ above  the,  bottom  of  the 
finished  channel.  About  5  acres  of  brush  were  cleared  from 
the  banks  but  not  grubbed.  There  was;  one  scraper  holder  to 
each  string  of  three  teams,  and  one  plow  team  to  every  6  or 
7  scrapers.  Each  scraper  averaged  62  cu.  yd.  excavated  per 
day,  80,  that  each  plow  averaged  about  400  cu.  yd.  per  day, 
and  including  plow  teams  the  average  output  per  team  was 
53  cu.  yd.  per  day. 

In  diking  another  creek  the  material  encountered  was  a  rather 
stiff  clay  which  was  plowed  with  a  heavy  single  team.;  The 
finished  channel  in  this  case  was  only  15  ft.  wide  at  bottom,  and 
the  top  of  the  finished  dikes  was  6  ft.  above  the  bottom  of  the 
channel.  The  "  lead "  was  only  20  ft.,  but  the  teams  traveled 
as  in  the  preceding  case,  three  in  a  string,  describing  a  circle  or 
ellipse  150  ft.  in  circumference.  With  540  team-days  (including 
driver)  and  620  man-days,  wages  as  before,  20,100  cu.  yd.  were 
moved  at  a  cost  of  14  ct.  per  cu.  yd.,  4.6  ct.  being  for  labor  and 
9.4  ct.  for  teams  and  drivers.  To  this  were  added  0.5  ct.  for 
tools,  0.5  ct.  for  sundry  expenses,  and  3  ct.  per  cu..jy4. -for 
foremen,  making  a  grand  total  of  18  ct.  per  cu,  yd. ,  The 
foreman  item  would  not  ordinarily  exceed  1  ct.  per  cu.  yd.,  but 
in  this  case  frequent  rainy  spells  flooded  the  creek  bed  and 
stopped  work,  during  which  tijme,  the  foreman's  pay  went  on. 
Not  including  plow  teams,  the  output  per  drag  scraper  team  was 
37,  cu.  yd.  per  day.  , ,  i 

,The  very  same  gang  later,  under  another  and  better  foreman, 
moved  15,000  cu.  yd.  of  clay,  at  the  rate  of  48  cu.  yd.  per 
scraper  pef  day,  and  ^iiiclu^ing  plow  teains,  of  whiph  theyei  was 
one  to  every  six  scrapers,  the  output  was  38  cu.  yd.  per;  team-day 
of  10  hr.  There  werp  8,  men,  beside ,  drivers,  for  every  10  teams, 
si)  that  the  cost  was  J9.,2^  ct.  per  pu,  yd. ,  for  team  work,,  3.15 
ci.  for  labbr^  1  ct.  for  foreman,  and  0.5  ct.  fpr  tools  and  sundries, 
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making  a  total-' of  nearly  14  ct.  per'cu.  yd.  We  believe  that  it 
would  be  difficult  to  better  this  output'  in  stiff  clay,  for  the 
horses  and  men  all  worked  with  energy.-  ^ 

In  excavating  2,100  cu.  yd.  of  gravel  in  a  road  cut  to  a  depth 
of  about  32  in.,  the  top  8  in.  being  frozen,  12  men  and  8  teams 
on  drag  scrapers-  and  plow  were  engaged  6  days  of  10  hr.  The 
haul  was  50  to  75  ft.  The  output  was  50  cu.  yd.  per  scraper- 
'day,iand  44  cu.  yd;,  per  team-day,  including  plow  teams. 
Based  upon  the  author's  experience  we  have  the  ■  following: 
Cost  Rule  for  Drag  Scrapers.  To  find  the  cost  per  cu.  yd. 
of  average  earth  (^  cu.  yd.  per  load)  moved  with  drag  scraperB, 
add  together  the  following  items : 

:j^o-l""i'''s  wages  of  team  with  driver  and  plowman  for  plowing. 
%-hour's  wages  of  team  with  driver,  lost  time  loading,  dump- 
ing and  extra  travel  in  turiiing;  !  ■  ii  ! 
%0-hour's  wages  of  laborer  loading  scrapers. 
%-hour's  wages  of  team  with  driver  for  each  100  ft.  of  "  lead," 
for  hauling. 

With  wages  at  30  ct.  per  hour  per  man  and  15  ct.  per  horse 
this  rule  becomes:/  To  a  fixed  cost  of  16  ct.  per  cu.  yd.  add  6.7 
ct.  for  each  100  ft.  of  "  lead."  Fairly  tough  clay,  hard  to  load, 
will  cost  one-thixd  more,  whereas  easy  sand  or  loam  will  cost 
one-third  less. 

,j  Ca.  yd.  per    ''• 

Lead  in  ft.  scraper-hr.      ,    , 

25    5.1  , 

Bd    ....'. 4.5  '    ■ 

'      ,  75 4.0 

100    3.6       - 

125 '. ;.........  3.3 

150. : 3.0 

The  "lead"  is  the  distance  from  center,  of  cut  to  center  of 'fill,  in  a 
straight  line.  .,      i  , 

Cost  of  Excavating  a  Cellar  Tvith  Brag  Scrapers.  Engineering 
and  Contracting,  3a.n.  27',  1909,  gives  the  following.  The  follow- 
ing costs  are  for  cellar  excava,ted  in  stiff  clay.  The  depth  of  the 
excavation  was  4%  ft.,  the  building  being  301^  x  33  ft.,  with 
an  angle  5x  16  ft.,  cut  out  of  one  corner.  The  number  of  cubic 
yards  was  155.  The  costs  given  include  the  expense  of  trunning 
up  the  sides.  The  clay  was  plowed  and  then  excavated  with 
drag  scrapers,  the  excavated  material  being  dumped  on  the  sides 
of  the  bank.  At  first  two  teams  Were  used,-  and  ah  extra  man 
for  loading  the  scrapers.  When  most  of  the  material  was  exca- 
vated only  one  soi-aper  was  used,  and  one  of  the  three  rnen  was 
put  to  work  dressing  dovm  the  sides  with  a  pick.  A  runway 
lexcavated  for  the  scrapers  to  enter  the  pit  contained  3  cu.  yd., 
making  in  all  158  cu.  yd. 
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The  cost  was  as  follows: 

85  hr.  team  with  driver  at  50  ct $42.50 

72  hr.  laborer  at  16  ct.  ; 10.80 

Total    '.'. $53.30 

The  cost  per  cu.  yd.  was: 

Team  work   , $0,269 

Labor    , 0.068 

Total  per  cu.  yd , $0,337 

This  cost  could  have  been  reduced  by  working  three  scrapers 
in  the  gang  instead  of  two,  and  then  one,  and, by  employing  an 
extra  man  to  keep  down  the  sides.  With  only  two  scrapers  the 
pace  of  the  teams  was  slow.  This  is  shown  by  the  fact  that- only 
•1.86  cu.  yd.  of  material  was  moved  by  a  scraper  per  hour,  when 
at  least  3  cu.  yd.  should  have  been  excavated.  Then  with  only 
two  scrapers,  there  were  times  when  only  one  scraper  was  at 
work  when  plowing  was  being  done.  With  three  teams  the  pace 
would  have  been  much  faster.  It  would  also  have  been  possible 
to  have  worked  one  team  overtime  and  thus  have  had  most  of 
the  plowing  done  when  it  would  not  have  interfered  with  the 
regular  work  of  the  scrapers. 

The  cost  per  cubic  yard  should  have  been  from  3  to  5  ct.  less 
than  it  actually  was. 

Cost  of  Grading  a  Railroad  Siding.  The  following  cost  in 
connection  with  a  lead  refining  plant  at  Grasselli,  Ind.,  are 
taken  from  Engineering  and  Contracting,  Mar.  12,  1913.  About 
one  mile  of  ^ilroad  grading  was  necessary  for  the  trackage 
serving  the  plant.  All  the  material  was  sand  and  was  handled 
by  slip  scrapers.  Very  little  plowing  was  necessary.  The  length 
of  haul  averaged  about  200  ft.  aiid  the  maximum  haul  was  about 
400  ft.  The  teams  and  scrapers  with  driver  were  paid  35  ct. 
per  hour.  Common  laborers  received  $1.75  per  day  of  10  hr. 
The  work  was  done  between  March  7  and  April  28.  The  average 
number  of  teams  per  day  was  9.8. 

Excavation,   cu.  yd i 15,658 

Total  labor  cost   .■•••    Jl,866.p0 

Cost  per  cu.  yd.  ct 11-9 

A  "Dirt  Buoker"  for  Making  Fills  Over  Marshy  Ground. 
Engineering  Record,  July  3,  1915,  gives  the  following:  For 
making  fills  across  marshy  ground  in  connection  with  Idaho 
State  rtoad  work,  a  device  called  a  ''  dirt  backer,"  is  used.  It 
consists  of  an  ordinary  fresno  scraper  fitted  to  the  forward  end 
of  a  frame  supported  on  two  wheels  in  the  rear,  similar  to  that 


260 


HANDBOOK  OF  EARTH  EXCAVATION 


of  a  "hay  bucker  "  such  as  used  on  western  ranches  for  moving 
hay  from  the  field  to  a  stacker.  The  material  is  pushed  ahead  of 
the  team  by  the  frame  in  making  fills  across  wet,  marshy  places 
too  soft  to  hold  up  the  horses.  The  dirt  is  first  dumped  at  the 
end  of  the  fill  and  the  "^  bucker "  is  simply  used  for  pushing 
it  ahead,  taking  the  place  of  dump  men.  According  to  Edward 
S.  Smith,  Idaho  State  highway  engineer,  it  has  proved  very 
effective  and  economical. 

Grading  Across  Sloughs  with  a  Push  Scraper.  The  following 
is  from  ail  article  by  L.  V.  Martin,  appearing  in  Engineering  and 
Contracting,,  May  7,  1919..   During  the  past  5  years  it  has  been 


Fig.  5.    Pushing  the  Grade  with  a  Bulldoser. 


the  writer's  task  to  grade  across  a  large  number  of  pot  holes, 
sloughs  and  peat  bogs,  over  which  it  was  impossible  to  .drive 
teams.  These  have  varied  from  a  few  feet  in  length  to  a  length 
of  3,000  ft.  in  one  extreme  case.  During  this  work  the  writer 
has  made  some  deductions  as  to  costs  and  methods  that  may 
be  of  interest  to  contractors  and  engineers. 

.  The  most  common  method  of  procedure  is  by  what  is  termed 
bull-dpsing  or  pushing  the  grade.  This  method .  is  particularly 
adapted  to  sloughs  containing  standing  water  and.  to  short 
stretches  of  bog.,  The  grade  for  this  work  should  be  carried 
from  40  to  60  ft.  wide  at  the  base;  or  in  the  case  of  standing 
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water  to  a  minimum  width  of  40  to  45  ft.  at  tlie  water  level. 
Wagons  or  scrapers  are  dumped  as  close  to  the  edge  as  it  is 
possible  to  drive  the  teams  and  the  dirt  is  then  pushed  ahead 
by  the  bulldoser,  as  shown  in  the  illustration.  A  good  operator 
on  the  .bulldoser  can  handle  the  dirt  from  5  to  6  teams  on  an 
average  haul  of  500  ft.,  and  more  as  the  length  of  haul 
increases.  With  a  good  operator  little  time  is  lost  over  a 
straight  haul  on,  good  ground.  The  outfit  shown  was  pushing 
for  five  No.  2  wfi^eelers  on  a  400-ft.  haul.  A  heavy  steady  team 
is  required  to  handle  this  pusher.  The  actual  cost  per  yard 
-  over  straight  haul  dirt  with  a  good  operator  should  not  exceed 
2  ct.  per  yard,  and  may  even  run  below  "this.  Unless  dirt  can 
be  sent  both  ways  from  the  cut,  however,  or  the  fill  is  long  enough 
to  use  the  full  outfit,  an  ele^ajing  grader  is  not  worked  at  full 
capacity  and  the  extra  cost  pier  yard  on  this  account  will  be 
raised  to  perhaps  6  ct.  additional  as  a  maximum. 

The  outfit  shown  in  the  picture  was  a  home-made  affair  con- 
sisting of  the  front  wheels  of  a  dump  wagon,  a  straight  telephone 
pole  8  in.  at  the  butt  and  20  ft.  long,  and  a  push  board  braced 
as  shown,  shod  with  a  3-jn.  by  i^-in.  iron  edge  on  the  bottom. 
It  was  so  made  that  the  pole  with  board  attached  could  be 
removed  in  a  few  minutes  from  the  wheels  and  loaded  on  a 
wagon.  These  outfits  can,  hbveever,  be  bought  f roin  any  road 
machinery  firm.  This  method  is  much  superior  to  and  cheaper 
than  the  old  one  of  having  shovelers  at  the  end  of  the  grade 
pushing  the  dirt  off  with  a  shovel. 

The  Fresno  Scraper.  The  scraper  shbwn  in  Fig.  6  embodies 
several  features  in  its  construction  that  have  made  it  a  favorite 
tool  for  scraper  work  on  the  Pacific  Coast.  The  chief  peculiarity 
of  the  device,  aside  from  its  general  shape,  compared  with  the 
ordinary  drag  scraper,  is  the  arrangement  of  shoes  or  runners 
on  which  it  travels '  when  empty.  This  scraper  was  probably 
first  made  at  Fresno,  Galif .,  whence  its  name. 

In  loading  and  when  traveling  loaded  the  scraper  travels 
on  the  bottom  of  the  bowl,  which  is  made  very  heavy,  being  a 
plate  of  %,-m.  plow  steel,  Jiaving  no  runners  in  the  shape  of 
projecting  plates  or  strips.  In  dumping,  the  scraper  is  raised 
by  the  rear  handle  until  it  rests  on  the  traveling  shoes  so  that 
the  load  spills  back  under  the  edge  of  the  bowl  which  is  raised 
off  the  ground  as  shown.  By  varying  the  height  to  which  the 
handle  is  raised  the  opening  under  the  edge  may .  be.  made 
almost  any  height  from  an  inch  up  to  the -full  opening  shown; 
this  possibility  •  is  of  particular  value  in  leveling  work,  since 
the  load  can  be  distributed  in ,  a  layer  of  almost  any  desired 
thickness.     A  rope  is  customarily  fastened  to  the  handle.     This 
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is  used  to  prevent  the  scraper  from  dumping  prematurely,  and 
is  allowed  to  drag  when  not  in  use.  ,.;  j 

The  bowl  fills  more  rapidly  if  drawn  across  the  furrows  than 
if  hauled  longitudinaiHy  with  them.  The  sizes  and  capacities 
are  given   in   the   accompanying  'table.    The   actual   capacities 


Fig.  6.    The  Fresno  Scraper. 

giyen  are  for  work  in  average  earth  on  uphill  or  level  hauls. 
The,  loads  are  often  from  50  to  100%  greater  on  downhill  hauls. 
Np.  1  scraper  is  generally  used,  and  requires  four  horses  or 
mules. 

FRESNO  SGEAPEES 


Length  of 

Capacity 

Horses 

cutting 

Listed 

Actual 

Weight 

Size 

required 

edge 

cu.  ft. 

ou.  ft. 

lb. 

No.  1 

4 

5 

18 

9.64 

300 

No.  2 

3 

4, 

14 

7,43 

275 

No.  3 

2-3 

.3.5 

12 

6.36 

250 

Rules  for  Cost  with  Fresno  Scrapers.  ■  The  ordinary  four-horse 
fresno  scraper  has  a  bowl  13  in.  high,  18  in.  wide  and  5  ft.  long, 
giving  a  struck  measure  capacity  of  slightly  more  than  8  cu.  ft.^ 
but  in  almost  any  soil,  esccept  dry,  running  sand,  the  earth  will 
heap  up  6  or  8  in.  aibove  the  top'ot  the  bowl,  and  will  extend 
quite  a  distance  beyond  the  front  of  the  bowl.  One  carefully 
measured  fresno  load  of  clayey  earth  contained  19  cu.  ft.  of 
loose  earth,  which  compacted  to  16%  cu.  ft.  when  rammed  in 
4-in.  layers  in  a  box.  Several  other  large  loads  gave  almost 
the  same  results  after  being  hauled  100  ft.  over  a  level  road. 

Mr.  Geo.  J.Specht  has  stated  that  on  a  downhill  haul,  loads 
will  average  35  cu.  ft.  and  occasionally  run  as  high  as  44  cu.  ft. 
However^  this  could  only  occur  with  light,  damp  soil  and  on  ■> 
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downhill  pull  where  much  material  could  be  drifted  ahead  of 
the  fresno  scraper.  Wo  have  never  measured  any  loads  of  that 
size. 

On  level  hauls,  or  on  uphill  pulls,  it  is  not  ordinarily  safe  to 
count  on  more  than  14  ^^'  7^-  ( measured  in  cut)  per  load,  al- 
though under  favbrable  conditions  the  average  load  inaiy  be 
25  to  50%  greater,  while  under  unfavorable  conditions  it  may 
be  25%  less. 

If  the  delays  in  loading  and  dumping  are  excluded,  the  team 
can  be  counted  upon  to  travel  about  200  ft.  per  minute.  It 
requires  some  room  in  Which  to  manoeuver  scrapers  of  any  kind«, 
no  matter  what  method  of  handling  the  teams  is  adopted. 
Hence  one  must  not  measure  the  average  distance  in  a  straight 
line  from  the  center  of  the  cut  to  the  center  of  the  fill,  and  call 
that  the  average  haul,  for  that  is  the  average  "  lead,"  which  is 
considerably  shorter  than  the  actual  haul. 

In  average  earth  the  daily  output  is  as  follows  when  the 
load  averages  ^  cu.  yd. 

'  Cu'.  ydrper 

"  Lead  "  in  ft.  fresno,  10  hr. 

50    ..'. 120 

100  , /. 100 

150 87 

200    i 75 

250    67 

300    60 

350 55 

400 50 

We  have  never  measured  any  fresno  loads  that  had  been 
hauled  as  far  as  400  ft.,  and  we  doubt  very  much  whether  fresno 
loads  hauled  that  distance  would  average  as  mueti  as  ^|.-cu.  yd., 
due  to  the  loss^  that  occurs  en  route. 

Cost  Rule.  To  find  the  cost  per  cubic  yard  of  average  earth 
(%  cu.  yd.  per  load)  moved  with  fresno  scrapers,  add  togethefc 
the  following  items:  '  '         ' 

:^-hour's '  wages  of  2^hor9e  team  with  driver  and  plowman  for 
plowing.  '  ' ■' 

^5-hour's  wages  of  4-hor8e  team  and  driver,  lost  time  loading 
and  dlimping  fresno,  and  extra  travel  in  turning. 
'  %0-hour's  wages  of  4-horse  team  and  driver  for  each  100  ft. 
of  "lead"  for  hauling.     The  ''lead"  is  the  distance  in, a  straight 
line  from  the  cenfef  0/  cut  to  center"  of  fill. 

With  wages  at  30  ct.  pBr  hr.  per  man,  and  15  ct.  per  hr.  per 
horse,  this  rule  bfecomes: 

To  a  fix«d  cost  of  10.5  ct.  per  cu.  yd.  add  3  ct.  per  100  ft., 
of  "lead." 
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For  tough  clay  add' one-third  to  ithia  cost  and  for  easy,  sand 
or  loam  deduct  one-third.  ./      -: 

Each  driver  is  assumed  to  load  and  dump  his  own  fresno. 

Cost  with  Fresnos  in  Arizona  and  Cost  of  Trimming  Slopes. 
Engineering  and  Conti'acting,  Oct. _2,  1907,  gives  the  following: 
The  following  is.  an  example  of  fresno  scraper  work,,  done  in 
Arizona  in  1894,  under  one  of  the  editors  of  this  journal.  The 
scrapers  were  used  in  grading  a  railro&d  bed,  the  cuts  being 
10  ft.  wide,  and  the  embankments  8  ft.  wide.  The  road  was 
narrow  gage.  Thirteen  miles  of  roadbed  were  graded,  the  yard- 
age moved  being  70,000,  or  5,400  cu.  yd.  per  mile. 

The  contractor  manaiged  his  own  work,  having  onlyi  foremen 
in  charge  of  the  various  gangs  directly  under  him.  One  man 
kept  the  time  books,  attended  to  the  commissary  and  also,  acted 
as  bookkeeper.  In  this  way  the  general  expense  account  was  a 
small  one.     The  wages  paid  were  as  follows :  . 

Time  keeper,  $50  per  month  and  board. 
Foreman,  $3  per  10-hr.  day. 
Foreman,  {2.50  per  10-hr.  day. 
Drivers,  ,$1.70  per  10-hr.  d^y. 
Laborers,  $1.1s  per  10-hr.  day. 

The  men  were  charged  75  ct.  per  day  for  board.  The  horse 
feed  was  hauled  by  the  contractor's  teams  from  his  own  ranch, 
and  he  estimated  that  the  entire  cost  of  feeding  and  caring  for 
a  horse  per  day  averaged  75  ct.  This  makes  a  charge  for  teams 
as  follows: 

4-horse  fresno  scraper,  tean^  and  driver  $4.75 

2-hprpe,  drag  scraper,  team  and  driyer  3.25 

4-hbrse  plow, ^team  and  two  men  ..:.'. 700 

'.6-horse  plow,  team  and  two  men  8.50 

The  charge  for  Ithe  plow  includes  an  allowance  of  i  50  ct.  per 
day  for  the  use  of  plow  and  repaxrsr.    . 

It  was  very  difficult  for  a  six-horse  plow  to  break  the  first 
foot  of  earth,  but,  after  reaching  that  depth,  a  four-horse  plow 
did  the  plowing  easily.  The  work  consisted  of  shallow  cuts,  not 
over  5  ft.  deep;  but  one  cut,  about  1,000  ft.  long;  was  15  ft. 
deep.  More  than  half  the,  roadbed  was  embankment,  ranging 
from  5  ft.  to  30  ft.  fill,  the  average  being  from  8  to  10  ft.  high. 
The  contractor  hauled  the  material  from  the  cuts  into  the  em- 
bankments when  the  lead  did-  not  exceed  200  ft.;  beyond-  that 
distance  he  wasted  the  material  from  the  cuts  and  borrowed 
for  the  embankment  at  his  own  expense.  He  consid^ed  this 
cheaper  than  to  haul  it.  No  record  was  kept  of  this  extra  yard- 
age, as  h$  was  paid  for  the  cross  section  quantities,  as  thougli 
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he  liad  made. the  hauls.  Fig.  7  sliows  the  manner  of i  ma/king, 
an  embankment   10  ft.  high.  f 

The  ditches  are  plowed  on  each  side  of  the  embankment  leav- 
ing a  berm  between  the  ditch  and  the  toe  of  the  slope.  The 
scraper  is  loaded  in  one  ditch  and  pulls  onto  the  embanl^iflent 
keeping  straight  ahead,  crossing  the  ditch  on  the  other  side  and 
turning.  Then  starting  back' and  taking  another  load  th«  opera- 
tion is  repeated.  For  an  embankment  10  ft.  high,  this  gives  a 
"  lead "  of  about  40  ft.,  and  a  distance  to  be  traveled  for.  each 
load  of  100  ft. 

The  amount  of  earth  pushed  ahead  in  such  a  short  distance  is 
very  large,  but  the  haul  is  always  uphill  for  the  load.  Each 
team  has  its  own  men,  the  scrapers  not  being  operated  in  gangs 
as  with  wheelers  and  drags,  but  in  separate  runs  side  by  side, 
and,  by  so  doing,  a  certain  pace  can  be  set  and  maintained, 
as  the  foreman  can  see  at  a  glance  when  all  the  scrapers- are  not 
being  loaded  at  one  time.  ■   t    •. 


Fig.  7.     Shape  of  Embankment  Built  with  Fresno  Scrapers. 

The  driver  loads  and  dumps  his  own  scraper,  which  effects 
a  decided  saving  in  loading  and  dumping,  as  compared  with 
wheel  scrapers.  A  rope  on  the  end  of  the  handle  makes  this. 
operation  easy,  the  scraper,  being  balanced  on  the  two  arch  springs 
in  front,  dumps  as  ^oon  as  the  lever  is  lifted.,  It  rides  in  this 
position  to  the  pit,  and  then  a  jerk  on  the  rope  throws  the  pan 
back  on  its  bottom  ready  for  loading;     ,  , 

The  driver  handles;  his- iour  horses  i  thus:  .The  two  outside 
horses  have  a  "jockey  stick"  tied  to  their  bits,  and  each  horsefs 
bridle  is  fastened  to  the  adjoining  horse's  bridle  by  a  .short 
strap  or  raw-hide,  string..  The  two  reins  are  each  divided  into 
two  lines,  one  line  going  to  each  JiorSe'si  bridle,  the  ,  lines  frpm, 
one  rein  going  to  one  outside  horse,  and ,  to  the  second  outside 
horse  from  ,it.  Thus  the  left  hand,  rein  pulls  the  left  ha,nd.  out- 
side horse  and  the  right  hand  inside  horse,  those  two  guiding 
the .  other  two  by  ithe  bit  straps.  The  fight  ,;hand  rein  c,op,trqlSi 
the  other  two  horses.  ,,       ,  ;  ,  ^  ,;   _;      It 

No  attempt  was  made  to  shape  the  embankment  to  the  . dotted; 
lines  as  shown  in  Fig.  7,  but  the  scrapers  heaped  up,  the  .dirt, 


266  HANDBOOK  OB  EARTH  EXCAVATION 

as  shown  by  the  heavy  lines,  and  left  it  so,  until  *he  dressing  up 
gang  finished  oiff  the  roadbed.  ,  • 

On  the  highest  embankments  the  Fresno  serapeI^s  could  not  be 
worked  in  topping  off  the  emhankm^nts  to  good,  ad  vantage,  owing 
to  the  climb  necessary  to  be  made  from  the  bottom  of  the  ditch 
to  the  top  of  the  bank,  so  .drag-  scrapers  were  used  for  this 
work.  Since  no  separate  record,  was  kept,  of  this  drag  scraper 
work,  it  will  have  to  be  included  with  the  work  done  by  the 
fresno  scrapers.  < 

The  cost  of  the  work^  was : 

Per  cu.  yd. 

General  expense   ....: $.003 

,,       Plowing     _.020 

"  Scrai)er's   ' 050 

' '         Dressing   roadbed    005 

'       >         Total    cost ....:.:... $.078 

At  5  ct.  per  cu.  yd.  for  the  fresno  work,  this:  means  95  eu.  yd. 
moved  per  scraper  per  day.  If  allowance  is  made  for  foreman, 
which  is  included  in  the  cost  of-  5  ct.,  this  yardage  would  be  in- 
creased to  about  105.  This  amount  would  be  further  increased  if 
the  drag  scraper  work  could  have  been  separated,  and  if  the 
additional  yardage  wasted  from  the  ctits  had  been ,  measuped. 

It  must  be  semembered  that  some  time  is  lost  by  the  fact 
that  plowing  cannot  go  on  fis  the  scrapers  are  working,  when  the 
latter  are  handled  in  thd  manner  described.  Hence,  when  a 
"  plowing  "  is  cleaned  up,  the  scrapers  must  be  moved  to  another 
section  that  has  been  freshly  plowed. 

A  pdint  of  interest  was  the  method  of  dressing  up  this  work. 
Only  one  man  with  a  pick  and  shovel  was  use^  on  the  job.  He 
.  did  the  work  necessary  on  the  slopes,  although  by  careful  plowing 
these  were  brought  down  in  good  shape  as  the  cuts  were  exca- 
vated. He  also  shaped  up  the  roadbed  in  the  cuts  when  the 
scrapers  left  small  places  that  it  did  not  pay  to  hold  teams  to  do. 
All  the  rest  of  the  dressing  work  was  done  by  a  foreman  and 
three  drag  scrapers.  They  took  out  any  excess  material  left  in 
the  cuts  and  smoothed  over  the  bottom  whenever  possible^  They 
leveled  the  embankments  down  to  the  proper  grade,  and,  if  more 
material  was  needed  on  the  bank,  they  brought  it  up  from  the 
side  ditches,  see  Fig.  7. 

A  man  with  some,  little  instruction  can  become  very  expert 
in  dressing  a  roadbed  with  a  scraper  in  this  manner.  He  holds 
the  drag  scraper  at  various  angles,  cutting  off  high  places  and 
filling  up  low  places  as  desired.  This  trimming  work  cost  %  ct. 
per  cu.  yd.  of  material  moved  and  not  quite  a  %  ct.  per  sq.  yd. 
of  roadbed.     About  Yg  of  this  cost  was  for  the  man  using  a  pick 
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and  shovel  and  not  quite  %  was  for  the  foreman  who  manipulated 
the  scraper. 

Tliis  cost  of  trimming  is  quite  low.  It  will  compare  very 
favorably  with  trimming  done  by  a  road  machine  and  other 
leveling  apparatus.  As  compared  with  trimming  done  by  hand 
on  railroads,  it  is  from  %  to  %  cheaper. 

Cost  Data  on  Railway  Work  in  Mexico.  The  actual  cost  of 
work  to  the  contractor  on  the  Cananea  Rio  Yaqui  and  Pacific 
Ry.  in  1907  was  studied  by  the  company's  engineers  under 
Howard  Egleston.  From  the  results  of  their  findings,  reported 
by  him  to  Engineering  and  Contracting,  Oct.  18,  1911,  the  fol- 
lowing is  abstracted: 

Camp  No.  2,  which  made  the  best  showing,  had  ideal  fresno 
work.  With  the  exception  of  a  shallow  cut  of  280  meters,  it  was 
all  embankment  work,  varying  from  nothing  to  a  maximum  of 
about  8  ft.,  all  material  being  taken  from  borrow  pits  alongside. 
The  work  of  Camp  No.  3  was  similar,  except  that  part  of  it  con- 
sisted in  a  fill  through  swampy  ground  which  had  to  be  built 
with  wheelers.  Camp  No.  1  worked  in  a  high  embankment  tak- 
ing material  from  borrow  pits  at  the  bottom  of  the  em- 
bankment. 

The  mules  used  were  all  Northern  animals.  ,  Among  the  idle 
teams  shown  in  the  table  are  included  for  each  camp  from  two 
to  four  horses  used  by  the  camp  foreman  and  corral  boss. 
While  by  no  means  idle  these  animals  could  not  well  be  charged 
to  any  of  the  productive  outfits.  Mexican  drivers  were  used,  and 
with  training  they  handled  the  teams  well,  but  it  was  difiicult 
to  keep  them  steadily  at  work. 

All  grading  on  this  Mexican  work  was  done  by  force  account, 
the  contractors  receiving  a  percentage  of  the  cost  to  pay  them 
for  superintendency.  The  contractors  executed  the  work  as  they 
thought  best;  they  furnished  such  machinery  as  they  thought 
desirable,  and  the  company  paid  them  rent  for  the  same.  They 
furnished  all  animals  needed  at  a  fixed  rate  of  hire  per  day. 
The  commissary  was  managed  by  them  on-^  percentage. 

The  accompanying  tables  are  figured  in  Mexican  money.  In 
comparing  prices  given  with  similar  items  in  the  states  these 
items  should  be  out  in  two,  as  the  Mexican  dollar  equals  only 
50  ct. 

Wages  A II  Outfits.  Camp  Foreman  $200,  "Grade  Foreman  $150, 
Corral  Boss  $120,  Blacksmith  $200,  Harness  Makers  $150,  Cook 
$90,  Cook's  Helper  $50,  Teamsters  $100,  Watchman  $80  per  month. 
Camp  laborers  $1.75,  Grading  laborers  $1.75,  Fresno  and  wheeler 
driver  $2.50,  Plow  drivers  $4,  Plow  holders  $4  day.  Carpenters 
$8  per  day. 
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.  .GEADING  BY  OUTFIT  NO.  1  F0J5.  13  DAYS 

Earth  Handled  9,595  cu.  m.    110  Head  of  Stock 

Ct.  per 
Distribution  cu.  m. 

Foremanship'    . ..'. $0.04 

General  camp  expenses   '. 08 

Plowing     09 

Moving  dirt 39 

Fresigliting ....<;....;....... -.04;   • 

Rentals  wagons  and  buckboard   . . . .' .07 ' 

Idle    animals    07 

J0.78 
Total  cost  per  cu.  yd.,  U.  S.  mbney  .:.. $0.30' 

No  loose  or 'solid  rot^'on  this  work. 

No  explosives  used. 

Work  consisted  of  both  cut  and  embankment. 

Average  amouni  dirt  moved  per  day  per  fresno,  25.34' cu.  m. 

31  plows  used  one  day  at  fiO  ct. ...;... $  18.60 

220.76  f;-esnos  i  used  one  day  at  50  ct.  ... , 110.38 

1  slip  used  one  day  at  50  ct ■.'. .50 ' 

_   0 'wheelers  used  one  4*y  8.t  80  ct.  ..i ". .00 

,  18, wagons  uispd  one  day  at , $1.00 18.00 

Total  cOst'Hay  aiid  barley,  $870.00  -^  715  team-days  gives  cost 
of  feed  per  tieam-day,   $1.22,  or  per  animal-day,  61  ct.  Mexi-  ' 
can  money.  ^ 

Team  days  working  593 

Team  days  idle  122 

Team  days  total    715 

Team  hire  per  day    ; $1.80 

Team  feed  per  day 1.22 

Team  cost  per  day j : ;...; $3.02 

GEADING  ?Y  OUTFIT  NO.  2   '  ~ 

Earth  handled  10,136  cu.  m.    117  head  stock. 

\^.      .,  Ct.  per 

Distribution  cu.  m. 

Foremanship     $0.03 

General  camp  expense   05 

Plowing     08 

Moving  dirt    ■ 23 

Freighting    ; '02 

Rentals  wagons  and  buckboard .01 

Idle   animals 06 

Total  cost  per  eu.  yd.,  U.  S.  money $0.18 

No  loose  or  solid  rock  on  this  work.  > 

No  explosives  used. 

All  embdnkinent  except  280  cu.  m.  shallow  cut. 

The  higher-wages  paid  prior  to  10th  inst.  would  increase 
cost  only  $24.12,  not  enough  to  alter  rate  per  cu.  m.  It  is, 
therefore,  not  shown. 

Idle  team-days    .-. ..  ...i.. .: "   216.5 

37,5  plows  used  one  day  at  60  ct $  22.50 

236.5  fresnos  used  one  day  at  50  ct 118  25 

1  buckboard,  lOi  wagons,  %  mo.  at  $30.00  165.00 

Total  team-days    877.5 

Work    team-days ' 6610 

Total  cost  of  hay  and  barley,  $1,045.76  -=-  877.5  team-days 
gives  cost  of  feed  per  team-day,  $1.19,  or  per  animal-day, 
69%  ct.  Mexican  money. 
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Of  teams  working  22%  were  on  plows 

Of  teams  working  71%  were   on  fresnos 

Of  teams  working  7%  were  on  wagons  freiglitinE 

Team  liire  per  day   7. *  SI  sn 

Feed  per  day   ....: ....['.]'.:'.]'.'.]      US 

.     Total     -7^ 

Average  days   work  per  fresno-team,   42.86  ou.  m. 

GRADING  BY  OUTFIT  NO.  3  ' 

Earth  Handled  5,837  cu.  m.    77' Head  of  Stock 

,     .,  Distribution  ^exi^m. 

Fwemansliip jq  jjg  ' 

■  General   camp   expense    048 

-  Plowing  .  ::..::;::::::    ;o8s 

Moving   dirt    250 

Freighting : !'.!!!!'.!!'.  016 

Rentals  wagons  and  wheelers 041 

Idle    animals '054 

Total  cost  per  cu.  yd.,  U.  S.  money  J0.20 

Cost  of  handling  dirt  per  cu.  m.,  .633  ct.  Mexican  money. 

No  loose  or  solid  rock  on  this  work. 

Alternating  cut  and  embankment. 
,  Average  amount  dirt  moved  per   day  fresno  and  wheeler, 
41.54  cu.  m. 

30  plows  used  one  day  at  60  ct. $  18.00 

I,  -    .  .   117.?  fresnos  used  oue  day  at  50  ct,   58.75 

2.5  slips  used  one  day  at  50  ct 1.25 

23  wheelers  used  one  day  at  80  ct 18.40 

6  wagons  u^ed  one  day  freighting  at  $1.00  6.00 

Total  cost  haj  and  barley,  $646!64  -f-  481^  team-days  gives 
cost  of  feed  per  team-day,  $1.34,  or  per  animal-day,  67  ct. 
Mexican  money. 

Team  days  working : 380.75 

Team  days  idle 100.50 

Team  days  total  481.25 

Team  hire  per  day  $1,80 

1  team  feed  per  day  1.34 

Te^m  total  cost  per  day  . > $3.14 

A  CU.  m.  is  equal  to  1.31  cu.  yd.,  so  the  cost  of  this  work 
expressed  in  cu.  yd.  is  76.5%  of  the  cost  here  given.    ' 

A  low  Cost  of  FresQiO  Work.  Walter  N.  Frickslad  in  Engineer- 
ing and  Contracting,  Nov.  3,  1909,  gives  the  following:'  The 
usual  practice  is  to  operate  fresno  scrapers  in  runs  of  three  to 
eight,  according  to  length  of  haul.  A  laborer  to  load  usually 
works  with  each  run.  But  in  light  ditch  work  frequently  each 
team  works  independently  and  the  driver  loads  his  own  scraper. 
Except  in  finishing  a  bank,  or  in  other  special  cases,  the  driver 
dumps  his  own  load. 

The  fresno  is  generally  limited  to  a  haul  of  200  or  300  ft., 
though  of  course  the  nature  of  the  contractor's  available  equip- 
ment frequently  modifies  that.     It  requires  less  time  and  labor 
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to  load  and  unload  than  does  a  wheeler,  but  the  expense  of  the 
two  extra  horses  balaijces  those  items  when  the  haul  exceeds 
200  or  300  ft.  It  is  especially  useful  on  highwaiyS,'  on  light 
railroad  work,  on  irrigation  and  drainage  ditches  where  the  cut 
makes  the  bank  or  is  wasted,  and  for  loading  large  cuts. 

As  with  all  methods  of  excavating  earth,  the  output  varies 
widely  according  to  the  conditions.  The  writer  has  records  rang- 
ing from  28-io  130  cu.  yd.  per  scraper  per  day.  The  cases 
given'  below  are  fairly  typical,  however.  The  first  four  cases 
relate  to  work  done  by  contract  on  the  Truckee  Supply  Canal, 
for  the'  Reclamation  Service,  near  Wadsworth,  Nev.,  in  1904.  In 
these  cases,  the  wages  of  drivers  and  laborers  were  $2  per  8-hr. 
day,  rent  of  horses  $10  per  month,  being  about  40  ct.  per  working 
day,  plus  40  ct.  for  feed.  -A  fresno  and  harness  is  counted  at 
10  ct.  per  day,  plow  and  harness  at  20  ct.  All  camp  and  gen- 
eral expenses  are  excluded,  and  no  deduction  is  made,  for  profit 
on  men's  board.  Board  was  75  ct.  per  day,  including  days  of 
idleness.  All  working  day  are  of  &  hrs.,  but  the  horses  were 
driven  accordingly. 

Following  is  a  record  made  under  most  favorable  conditions, 
in  January,  1904.  Weather,  clear  and  eoldi;  soil  dry,  breaking 
readily,  being  loam,  sand  and  clay  in  irregular  beds;  earth  moved 
from  ditch  to  make  the  base  of  both  banks  of  canal,  extreme  lift 
being  about  10  ft.;  a  small  amount  of  earth  hauled  as  much  as 
200  ft.: 

Foreman,  15  days  at  J4.50   $67.50 

4-horse  (rc-sno  and  driver,  84  days  at  $5,30 445.20 

S-lioree  plow,-  driver  and  holder,  13  days  at  $9  117.00 

Labor,  clearing,  helping  plow  holder,  etc.,  3D  days  at  $2. .  60,00 

Labor,  loading  scrapers,-  32  days  at  $2  64.00 

Total,  10,219  cu.  yd $753.70 

Deducting  $38  as  the  cost  of  clearing,  the  cost  per  yd.  was  7  ct. 
per  cu.  yd.  It  shows  122  cu.  yd.  moved  per  scraper  per  day,  and 
it  js  certain  that  the  average  would  have  been  130  cu.  yd.  had 
all;  hauls  over  100  ft.  been  eliininated.  Owing  to  careless  dump- 
ing, however,  and  the  resulting  large  amount  of  sloping,  the  final 
cost  ''".^^  much  larger  than  shown  liere^ 

The  second  case  is  typical  of  a  large  cut,  being  the  approach 
to  a  tunnel.  It  covers  December,  1903,  January,  February, 
Marph,  April  and  part  of  May,  1904;  weather  generally  clear  and 
cold,  except  few  warm  days  in  April  and  May;  soil  dry  solid 
silt  and  Cube  clay,  which  would  not  pile  high  in  scraper;  average 
force  employed,  8  fresno  first  two  months,  afterwards  12;  excava- 
tion on  side  hill,  extreme  cut  over  60  ft.,  with  15  ft.  to  30  ft.  on 
low  side;   material  wasted  into  gulch  below,  much  of  it  60  ft. 
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below  grade  of  canal ;  most  of  material  hauled  downward  about 
30  ft.  horizontally  100  to  200  ft,:  Actual  wages  varied  from 
these  figures,  especially  plow  driver  and  holder,  but  are  held 
uniform  for  con^parispn. 

Foreman,  4%  months  at  J80  ...: $  38000  ' 

4rhorse  fresno  and  driver,   1,182  days  at  $5.30   6  317  60      , 

1      4-horse  plow,  driver  and  holder,  74  days  at  ?7.40  '547  60  ' 

"   '  6-horse'plow,  driver  and  holder,  47  days  at  ?9  ..; 423  00 

Labor,   loading,  estimated  240  days  at  tZ   ', 4fo!oO 

Labor,  sloping  and  miscellaneous,  estimated  184  days- at  J2     3fe00 
Labor,  helping  plow  holder,  estimated  60  days  at  $2  100.00 

Total,    71,567   cu.   yd. ,..$8,616.20 

This  is  almost  exactly  60  cu.  yd.  per  fresno  per  day  at  a 
cost  of  12  ct.  per  cu.  yd.  This  cut  was  not  considered  to  have 
been  well  managed.  Six  or  more  foremen  were  in  charge  suc- 
cessively, and  the  work  dragged  noticeably.  Other  similar  cuts, 
better  managed,  averaged  65  to  70  cu.  yd.  per  scraper  per  day. 

Following  is  a  record  of  extremely  difficult  conditions.  The 
earth  was  thoroughly  mixed  with  stone,  in  all  sizes  up  to  5  cu. 
ft.  The  greater  part  of  these  had  to  be  taken  to  the  outer  edge 
of  the  embankment.  The  material  was  hard  to  plow  and  harder 
to  load.  It  was  all  used  in  making  the  banks,  mainly  on  one 
side,  with  little  longitudinal  haul. 

IIoi!eman,'16.5  days  at  $3   $49.50 

4-horse  fresnos,  6i;5  days  at  $5.30  325.95 

2-Korse  stoneboat,  11.2  days  at  $3.65 40.88 

4-horse  plow,  etc.,  6.5  days  at  $7.40  48.10 

,,.  6-horse  plow,  5.2  days  at  $9  .., 46.80 

Labor,  loading  scrapers  and  stoneboat,  76.2  days  at  $2...  152.40 

Total,  S,800  cu.  yd $663.63 

Supposing    the    11.2    stoneboats    to    have    been    ^qual    to    3% 

fresnos,  this  would  give  58..5   cu.  yd.   per  day  per  fresno.     The 

cost    would    be    about    17^    ct.    per    yd.     This    work    was    well 

directed,  and  showed  a  surprisingly  high  yardage  for  the  force 

employed,  but  the  long  haul  accounts  for  it. 

Following    is    a    record    that    illustrates    the    effect    of    haul. 

Weather  was  dry  and  cold,  soil  dry  sand  and  silt;  haul  averaging 

600  ft.;  foreman  the  same  as  the  above. 

Foreman,  18  days  at  $3   $     54.00 

4-horse  fresno  and  driver,  170  days  at  $5.30 ,  901iOO 

4-horse  plow,  driverj  and  holder,  9  days  at,  $740  . . .  66.60 

Labor,  49   (probably  22  loading  and  27  finishing)  at  $2.  98.00 

Total,  28.8  cu.  yd.  per  fresno  per  day  $1,119.60 

Following  is  a  more  itemized  record  of  work  during  April, 
May  and  June,  1906,  near  Fallon,  Nev.,  by  Government  forces, 
on  an  irrigation  canal.  Weather  hot  and  dry;  soil,  mainly  com- 
pact sand,  with  some  gravel,  loam  and  hard  clay;   ditch  about 
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20  ft.  wide  on  the  bottom,  slopes,  2  to  1,  bank '7.5  ft.  above 
grades,  6  to  12  ft.  wide  on  top,  location'  generally  along  a  ilat 
sidehill;  banks  generally  made  from  cut,  but  one  hill  had  a  cut 
of  20  ft.  and  the  material  was  wasted  beyond  a  50-ft.  berm  or 
hauled  2P0  or  300  ft.  to  reinforce  the  banks  across  the  adjoining 
depressions.  Another  short  hill  was  hauled  an  average  of  150 
ft.  either  way.  The  right  of  way  was  cleared  of  light  brush, 
and  berm  plowed  before  building  banks,  the  slopes  were  carefully 
trimmed,  and  the  bpttpm  finished  to  grade  stakes.  The  working 
day  was  8  hr.  The  small  amount  of  finishing  labor  shows  how 
well  that  work  can  be  done  by  scrapers. 

Foreman    r ?    101.00 

Sub-foreman    fi'.OO 

4-horse  fresno  drivers,  $2.25  ,    .692:42 

Scraper  headers,  ?2,25   241.31 

6-liorBe  plow  driver,  J2.75   . . . ; : 62.55 

Plow  holder,  $2.75...... 68.Q5 

Laborers,   cleaning, .  finishing,    $2.25    16.87 

Horses    (hired),  $0,333  day 464.83 

$1,650!03 

Cu.   yd.    excavated    ., ^7,629 

Cu.  yd.  per  scraper  day  .i.;  89.75 

Following  is  the  July  record  of,  the  same  outfit,  on  a  piece 
of  ditch  with  less  iaul  and  less  deep  cutting.  Labor  was  scarce, 
very  unsatisfactory,  many  teams  were  idle  each  day,  and  the 
foreman  was  away  on  a  spree  for  the  first  twelve  days.  Ap- 
pended also  is  a,  complete  record  of  the  camp  expenses,  all  of 
which  are  chargeable  to  this  work.  The  latter  indicate  how 
total  expense  may  differ  from  field  or  excavating  expense. 

Excavating  Expense: 

18  da3;s  foreman  at  $12.50  per  mo $     67.50^ 

34  days, sub-foreman  at  $95  per  mo. 107.67           ,; 

354%  days  4-horse  fresno  driver  at  $2.25  , 798.19 

2  days  2-horse  fresno  driver  at  $2.25 4.50 

'       4 'days  ^-hofSe'  tongue  scraper  driver  at  $2.25.  -  9.00 

1%  days  2-horse  tongue  scraper  driver  'at  $2.25,  ....  3.93 

119%  days  scraper  holder  at  $2.25  ;.'..'. 268.88 

43%  days  6-horse  plow  driver  at  $2.75  .v 119.62 

43%  day.s.  6-hprse  plow  holder  at  $2.75 119.62 

1%  days  2-hor&e  tongue  scraper  holder  at  $2.25  3.93 

1,691  days  horses  at  33i,&  ct 563.67 

$2,066.51 
Excavation   (about),  30,000  cu.  yd. 
Excavation  per  "scraper,  84.3  cu.  yd.  per  day. 

(2-horse  fresno  counted  as  one-half  of.  4-horse  fresno. 
Tongue  scrapers  not  included,  as  their  work  was  confined  to 
finishing.) 

■         Managing  Force: 

.13  days  superintendent  at  $145  per  mo ,.  $  60.81, 

1  mo;ith  ,  timekeeper    .; lOO.CV      '^" 

93  days  horses  at  33VS  ct ; ^..i. 31.00  i  ^       i 

•  $191.81 
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Camp  Force: 

^26%  days  blaQjcsmith-  at  $3   $     92.75 

15%  days  cook  at  $60 31.00 

15  days  cooki  at  $75 37.50 

4%  days  second  cook  at  $40  5.99 

38%  days  flunkies  at  $35  44.91 

■    13%  days  labor  at  $2.25 30.37 

42  days  .6-horse  treight  teamster  at  $2.75  115.50 

2%  days  4-horse  freight  teamster  at  $2.25 5.62 

17  'days  4-horBe  freight  teamster  at  $2.50   42.50 

1%  days  2-horse  freight  teamster  at  $2.25  3.37 

396  days  horses  at  SS^  ct 132.00 

1,594  days  idle  horses  *   at  33%  ct 531.33 

Subsistence     472.00 

Supplies  :'.' '. 71.16 

Forage •. 1,634.33 

^  $3,250.33 

*  Idle  horses  includes  working  stock  on  Sundays  and  holi- 
days, being  six  days. 

Deduct  board  of  men  at  75  ct.  per  day,  except  Superintendent 
and  kitchen  force,  about  $730. 

Another  contractor,  in  the  spring  of  1905,  excavated  125  to  130 
cu.  yd.  per  day  per  fresno.  The  exact  record  of  labor  is  not  at 
hand,  but  it  can  be  approximated.  The  soil  was  sand  and  light 
loam.  The  cut  generally  made  the  banks.  The  ditch  was  nar- 
row, and  ranged  from  6  to  71^  ft.  deep,  from  bottom  grade  to 
top  of  bank.  Scrapers  worked  singly,  going  down  one  bank  and 
up  the  other  alternately.  Each  driver  loaded  and  dumped  his 
own  scraper,  except  one  finishing  scraper.  A  two-horse  plow, 
without  holder,  loosened  the  earth  for  10  to  12  scrapers.  The 
contractor  paid  $2.25  per  day,  and  worked  8  hr.,  while  others 
near  by  paid  $2.00  and  worked  10  hr.  He  therefore  had  the 
beat  men  available,  and  forced  both  men  and  horses  to  their 
limit.  He  was  fully  of  the  opinion  that  he  would  have  done 
no  better  by.  working  10  hr.  per  day.  The  excavation  cost,  in- 
cluding practically  all  the  finishing,  fqr  125  cu.  yd.  per  fresno 
per  day  might  be  computed  as  follows  for  a  maximum : 

4  horses,  fresno  and  driver   $5.30 

1-10  of  2'horse  plow  and  driver  at  $3.95 0.395 

1-10   of  loader    0225 

^  1-10  of  foreman  at  $i, .' ; : ,0''" 

Total  per  scraper  day    $6-32 

This  is  5.06  ct.  per  cu.  >d. 

The  Oakland  Rewjlving-Buoket  Scraper.  Engineering  News, 
Oct.  21,  1915,  gives  the  following:  A  novel  scraper  developed 
from  the  fresno  type  is  being  marketed  by  the  Graves-Spears 
Road  Machinery  Co.,  of  Qakfand,  , Calif.  Four  sizes  are  ,madp  — 
with  5-,  6-,'  7-  and  8-ft.  buckets. 
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A  long  steel  bucket  or  bowl  is  pivoted  in  a  stiff  steel  frame 
which  is  carried  on  shoes  forward  and  wheels  at  the  rear. 
The  driver  rides,  loading  and  dumping  with  a  foot  lever.  He 
does  not  have  to  pull  the  bucket  back  into  place,  as  it  revolvea 
and  looks  when  it  comes  into  loading  position.  For  grading  it 
can  be  held  at  any  angle  desired.  This  scraper  sells  at  from 
$75  to  $200.  It  is  claimed  that  one  6-ft.  Oakland  scraper  will 
move  more  earth  than  two  5-ft.  fresno  scrapers. 


Ill  'l;jl 


Fig.   8.     Revolving  Bucket   Scraper. 


Wheel  Scrapers.     The  following  has  been  taken  from  catalogs, 
excepting  the  last  two  columns,  which  the  author  has  added: 


Actual 

struck 

Weight 

Cata- 

measure 

Si^-e  of                        Bowl 

of 

logue 

cu.  ft. 

1  Actual 

wheeler  ,  Depth  in    Width 

Length  i  wheeler . 

capatrity 

of  loose 

place 

No.            in. ,         in  in. 

in  in.'       in  lb. 

cu,  ft. 

earth- 

measure 

'  '  1-            13   '           36 

3fr-36      '340-450 

9-10 

7.5-9 

6-7.2 

3           r-13.5          38 

33^37        475-500 

12-13 

.     8.75   ■ 

7- 

2V^         13.5             i)8 

41               575 

14 

12.15 

9.7 

3              16^          42-44 

40-41       625-800 

16-17 

15.5 

12.4 

1  Actual  place  measure, 

capacity  20%  less  than  loose 

measure. 

Large  wheel  scrapers,  even  in  light  soils,  and  small  "  wheelers  " 
in  tough  soils  seldom  leave  the  pit  full  of  earth,  but  at  the  back 
end  of  the  bowl  there  is  usually  a  wedge-shaped  space  unfilled 
where  the  earth  slopes  up  from  the  bottom  of  the  pan  on  a  1.5 
to  1  slope.  Unless  front  end  gates  are  used  on  large  scrapers,  a 
similar  unfilled  space  eiists  at  the  front  end  of  the  bowl,  before 
the  team  has  traveled  far,  thus  reducing  the  capacities  given  in 
Jast  column  by  2  to  3  cu.  ft.     The  author  has  found  the  average 
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Ipad  (place  measure)  carried  by  wheelers  is  as  fpljpws:  No.  ;i, 
.0.2  cu.  yd.;  No,  2,  0.25  cu.  yd.;  No.  2%,  0.33  cu.  yd.;  No.  3,  0,4 
cu.  yd.     ,        ,  ^ 

These  loads,  however,  can  be  materially  increased  by  th,e 
simple  expedient  of  having  men  with  shovels,  to  All  the  bowl 
heaping  full  wheii  the  soil  is  such  tha;t  the  tpam  cannot  fill  the 
bowl.  The  longer  the  haul,  of  course,  the  better  it  will  pay  to 
so  .fill  the  bowl.  ,      I  .     -  • 

;,  A  snatch  or  snap  team  is  generaiiy  used  with,  a  No,  2  wheeler 


Fig.   9.     Wheel   Scraper   Made  by   American   Steel   Scraper    Co., 
Sidney;  Ohio.  i 


and;  always  with  a  No.  3,  to  i assist  in  loading,  but  even  with,  a 
snatch  team  it  is  impossible  to  fill  the  bowl  in  tough  clay.  In 
such  cases  by  all  means  use  shovelers.  ,. 

■  -With  wheelers,  as  with  drag  scrapers,  add  50  ft.  to  the  actual 
"  lead  "  for  turning  and  manoeuvering  the  teams,  equivalent ;  to 
%  minute  of  team  time  each  round  trip.  Another  14  minute  is 
lost  in  loading  and  dumping,  and  still  anotlier  %  minute  help- 
ing load  the  scrapers. 

The  lightest  No.  1  wheelers  made  are  to  be  recommtfiided  where 
leads  are  very  short  and  rises  steep,  that  is  wherever  dragi  scrap- 
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era  are  ordinarily  used,  for  they  move  earth  more  economically 
Hiian  iJ'rags.  Where  soil  is  very  stony,  or  full'  of  roots,  drag 
scrapers  are  to  he  preferred,  since  they  are  more  easily  and 
quickly  loaded  under  su6h  conditions. 

The  method  of  handling  No.  1  wheelers  is  the  same  as  that 
above  given  for  drags.  When  actually  walking  a  wheeler  testm 
averages  200  ft.  per  minute. 

Rules  for  Costs  with  Wheeler.  The  following'  rules  of  cost 
with  vifheelers  are  based  upon  careful  timing  of  individual'  teams 


Fig.  10.     Wheel  Scraper  After  Load  is  Dumped. 

checked  by  large  excavations.  The  rules,  moreover,'  will  be 
found  to  agree  closely  with  published  data  where  conditions  have 
been   similar.  ?.! 

Rule  I.  To  find  the  cost  per  cu.  yd.  of  average  earth' moved 
with  No.  1  wheel  scrapers  (%  cu.  yd.  load),  add  together  the 
following  items: 

. '  ^^Q-h'Our's  wages  of  team  with  driver  and  plowman  for  plowing. 
%-hour's  wages  of  wheeler  team  with  driver,  ,"  lost  time  "  load- 
ing and  dumping  and  extra  travel  in  turning. 

;  %5-hour's  wages  of  man  loading  scraper. 
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%2-hour's  wages  of  wheeler  team  with  driver  for  each  100  ft.  of 
"  lead  "  for  hauling.  ;  With  wages  at  30  ct.  per  hour  for  men  and 
15  ct.  per  hr.  per  horse,  the  rule  becomes :  To  a  fixed  cost  of 
16.5  ct.  per  eu.  yd.  add  5  ct.  ~per  cu.  yd.  for  each  100  ft.  of  "  lead." 

Rule  II.  To  find  the  cost  per  cu.  yd.  of  average  earth  moved 
with  No.  2  wheel  scrapers  (%  cu.  yd.  load),  using  no  snatch  team, 
add  together  these  items:    ' 

'i^o-howT's  wages  of  team  with  driver  and  plowman  for  plowing. 

%-hour's  wages  of  wheeler  team  with  driver  for  "  lost  time " 
loading  and  diiinping  and  extra  travel  in  turning. 

%5-liour's  wages  of  man  loading  scrapers'. 

145-hour's  wages  of  man   dumping  scrapers. 

145-hour's  wages  of  wheeler  team  with  driver  for  each  100  ft. 
of  ■'  lead  "  for  hauling.  With  wages  at  30  ct.  per  hr.  for  men, 
and  15  ct.  per  hr.  per  horse,  this  rule  becomes :  To  a  fixed,  cost 
of  18.5  Ct.  add  4'ct.  per  cu.  yd.  for  each  100  ft.  of  "lead";  and 
if  a  snatch  team  i^  required  to  load  add  3.5  ct.  more  per  cu.  yd. 

Rule  III.  To  find  the  costp^r  cu.  yd.  of  average  earth  moved 
with  No.  3  wheel  scrapers  (%o  cu.  yd.  load),  using  a  snatch 
team,  add  together  the  following  items : 

]/liQ-hovir'a  wages  of  team  with  driver  and  plowman. 

^-hour's  wages  of  wheeler  team  with  driver  for  ''  lost  time " 
loading  and  duinping  and  extra  travel  in  turning. 

^/Jg-hour's  wages  of  team  with  driver  for  snatch  team. 

'>/{o-houT's  wages  of  man  loading  scrapers. 

i^o-hour's  wages  of  man  dumping  scrapers. 

l^-hour's  wages  of  wheeler  team  with  driver  for  each  100  ft. 
of  lead  for  hauling.  With  wages  at  30  ct.  for  men  and  15  ct.  per 
hr.  per  horse,  this  rule  becomes:  To  a  fi.xed  cost  of  17.5  ct. 
per  cu.  yd.  add  2.5  ct.  for  each  100  ft.  of  "  lead." 

The  "  lead  "  is  the  distance  in  a  straight  line  from  the  center 
of  the  cut  to  the  center  of  the  fill. 

For  very  tough~  clay  add  one-thir(jl  to  the  above  costs,  while 
for  easy,  sand  or  loam  deduct'  one-third. 

To  estimate  the  number  of  cubic  yards  per  hr.  per  wheeler, 
add  together  tie  "lost  time"  and  the  hauling  time  for  the  given 
"lead";  divide  the  sum  into  one.  Thus,  if  the  "lead"  is  150 
ft.'  and  the  wheeler  is  a  No.  2,  we  have  (by  Rule  11)  %  hr.  lost 
time,  plus  YisX  1.5  or  1^0  lii".  "  lost  time";  whence  the  total  is 
1%0  hr.     Dividing  this  into  1,  we  get  69'i6  or  3.7  cu.  yd.  per  hr. 

Hints  on  Handling  WheelejS.  Engineering  and  Contracting, 
Aug.  28,  1307,  gives  the  following:  In  operating  scrapers'  the 
first  -consideration  is  the  plowing  of  the  material.  This'  seems 
a   simple   inatter,   consequently   it   is   seldom   done   properly.     If 
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the  earth  will  permit,  the,  plow  should  be  set  to  cut  a  /urrow  10 
to  12  in.  deep.  With  such  a  depth  of  well  broken  up  dirt  the 
scraper  will  be  heaping  full  after  traveling  but  a  few  feet,  but 
if  the  material  is  not  broken  up  well  and  is  not  plowed  deep,  the 
scraper  will  travel  some  distance  over  the  ground  without  getting 
a  good  load,  for  the  back  half  of  the  pan  will  not ,  heap,  itself 
with  dirt  unless  the  loading  of  the  scraper  is  done  quickly  and 
with   some.  snap.  ,     i  . 

The  furrows  should  be  kept  close  together  and  care  exercised 
that  ridges  of  unplowed  ground  are  not'  left  between  them,  else 
the  work  of  loading  will  be  impeded.  It  is  also  important  that 
the  bottom  of  the  cut  should  be  kept,  level  so  that  the  scraper 
pan  will  lie  flat  and ,  not  be  tilted  to  one  side,  thus  taking  a 
load  the  greater  part  of  which  will  drop  off  on  the  way  to  the 
dump.  It  will  frequently  pay  in  stiff,  heavy  soils  to  plow  the 
material  twice, ,  as  this  class  of  earth  can  be  broken,  up  in,  this 
manner  so  as  to  load  the  scrapers  much  faster  and  easier. 

Wheel  scrapers  are  generally  made  in  four  sizes,  No.  1  being 
tlie  smallest.  This  size  is  not  used  very  extensively,  because 
most  dirt  movers  do  not  seem  to  appreciate  their  yalue,  A 
snatch  or  snap  team  is  not  needed  in  operating  this  size  scraper. 
One  man  also  can  load  it,  and  two  horses  can  pull  it  up  an  in- 
cline as  easily  as  a  drag.  These  facts  make  it  as  cheap  to 
operate  as  a  drag  or  slip  scraper,  and  it  carries  a  larger  load 
than  the  largest  size  of  the  drags.  The  load,  too,  can  be.  carried  , 
farther.  This  makes  the  unit  cost  of  excavation  much  lower. 
For  short  hauls,  with  loads  of  75  to  200  ft.,  a  No.  1  wheeler  is 
not  only  superior  to  a  drag,  but  also  to  a  larger  size  wheeled 
scraper.    ; 

In  operating'Nos.  2,  2%  and  3  wheeled  scrapers,  a  snatch  team 
>is  necessary,  to  help  load  the  scraper.  Most  contractors  have 
found  that  in  average  earth,  or  those  heavier  than  average,  three 
horses  in  the  snatch  team  are  better  than  two,  two  horses  only 
working  well  where  the  soils  are  light.  The  three-horse  snatch 
team  has  become  the  usual  one  in  most  sections.  Good,  results 
are  obtained  with  it,  but  mucl\  better  and  more  economical  work 
can  be  done  with  a  four-horse  snatch  team.  Two  men  are  gener- 
ally used  with  a  snatch  team,  one  to  hook  and  unhook  the  team 
to  the  scraper,  and  the  other  to  do"  the  driving.  With  four 
horses  the  same  number  of  men  are  needed.  The  horses  are 
hitched  up  in  pairs.  Four  horses  will  load  the  scrapers  not  only 
quicker,  but  with  a  larger  load.  Their  greatest  value  is  in 
changing  from  one  end  of  the  cut  to  the  other. 

When  loading,  the  scraper  team  should  always  pull  in  the 
direction  in  which  the  load  is  to  be  hauled.     By  doing  this  the 


SCRAPERS  AND  GRADERS  270 

load  is  kept  liv  the  pan  better,  for  in  turning  a  loaded  wheeler  on 
the  plowed  ground  much  earth  is  spilled.  Then,  too,  in  narrow 
cuts  the  loaded  team  doe,s  not  interfere  with  the  empties,  which 
can  pass  behind  the  snatch  team,  turn  around,  lower  the  pan 
in  position  for  loading  and  pull  up  behind  the  snatch  team  at 
the  proper  moment.  The  scraper  team  should  pull  up  behind 
the  snatch  team  which  should  be  backed  a  foot  or  two  and 
hooked  on.  " 

In  plowing,  the  two  extreme  ends  of  the  row  are  never  plowed 
as  deep  or  as  well  as  the  rest  of  the  row.  Consequently  in  loading 
there  is  less  dirt  to  be  picked  up  at  the  ends,  so  the  work  is 
lighter  and  easier.  <    , 

With  a  three-horse  snatch  team,  the  snatch  team  must  be 
used  until  the  last  scraper  is  loaded  at  the  end  of  the  row,  then 
time  is  lost  by  all  the  wheelers,  while  the  snatch  team  is  traveling 
the  length  of  the  cut  to  start  another  row.  This  generally  means 
that  the  run  Qf  the  scrapers  is  interfered  with  and  one  team 
blocks  another,  so  that  even  with  close  attention  on  the  part  of 
the  foreman  it  may  be  some  minutes  before  the  teams  are  again 
spaced  out  and  moving  with  clocklike  precision. 

With  a  four-horse  snatch  team,  however,  this  loss  of  time  and 
confusion  can  be  prevented.  As  the  scrapers  near  the  end  of 
the  row,  and  there  are  not  two  or  three  more  loads  of  dirt  to 
be  picked  up,  two  horses  from  the  snatch  team  are  sent  to  the 
other  end  of  the  cut  and.  while  one  piirt  pf  the  snatch  team  is 
finishing  up  the  old  row  the  other  part  is  starting  a  new  row. 
The  light  plowing  at  the  ends  of  the  row  makes  this  a  quick  job, 
and  as  the  scrapers  get  into  the  heavy  plowing  of  the  new  row, 
the  two  snatch  teams  have  been  made  into  one  again,  and  the 
work  is  carried  on  without  a  break.  The  saving  effected  with  a 
four-horse  snatch  team  over  a  three-horse  will  generally  pay  for 
the  extra  horse  many  times  over. 

For  most  wheeled  scraper  work,  Nos.  2  and  2^  are  the  best 
sizes  to  use.  Contractors  have  adopted  them  for  railroad,  levee, 
wagon  road,  reservoir  and  other  construction.  The  No.  3  is  too 
heavy,  and  drags  on  the  horses,  especially  in  sandy  or  light  loam. 
They  are  also  too  hard  on  a  tea;m  in  loading  or  in  ,mounting 
an  incline.  In  some  special  places  they  can  he  used  to  excellent 
advantage.  When  the  load  is  over  a  good  hard  roadway,  and 
the  excavation  is  on  slightly  higher  ground  than  the  dump,  a 
No.  3  is  no  harder  on  the  team  and  is  more  economical  than  the 
other  sizes. . 

In  dumping  a  scraper  one  man  can  manipulate  the  scraper 
if  the  team  is  kept  moving  at  a  slow  gait.  Some  contractors 
however,  use  two  men  on:  their  dumps.     With  but  little  practice 
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a  dump  man  can  learn  how  to  hold  the  pan  after  he  has  tilted  it, 
so  as  to  spread  and  level  off  each  load. as  it  is  dumped.  This 
is  much  easier  to  do  when  the  load  is  dumped  over  the  end  of 
an  embankment,  but  when  dumping  on  a  level  place  the  dirt 
can  be  distributed  in  from  3  to  6  in.  layers  ■  without  additional 
work.  ' 

Scrapers  are  worked  in  "  runs  "  according  to  the  length  of  the 
"  haul."  It  must  be  remembered  that  the  "  lead  "  is  considered 
as  being  from  the  center  of  mass  of  the  cut  to  the  center  of  mass 
of  the  dump.  The  "  haul "  is  the  entire  distance  traveled  by 
the  scraper  from  pit  to.  dump.  There  should  always  be  enough 
scrapers  in  a  "  run  "  to  keep  the  loaders  and  the  snatch  team 
steadily  at  work. 

Scraper  work  is  ideal  when  the  lead  is  from  300  to  400  ft. 
and  good  work  can  be'  done  up  to  500  to  600  ft.,  but  the  cost 
quickly  increases  when  the  distance  becomes  greater.  For  this 
reason  an  extra  price  is  needed  when ,  the  leads  are  long.  The 
extra  -price  paid  is  termed  the  "  overhaul  price,"  and  when  it 
applies  to  scraper  work  the  free  haul  should  not  exceed  500  ft. 

It  is  important  that  wheel  scrapers  be  operated  according  to  a 
time  schedule.  An  ideal  arrangement  would  be  to  have  the 
snatch  team  start  at  the  beginning  of  the  plowed  ground.  The 
first  wheeler  would  be  driven  up  to  it  and  the  snatch  team 
backed  slightly  and  hooked  on.  A  second  wheeler  would  follow 
the  first  at  an  interv,al  just  enough  to  give  the  first  wheeler 
time  to  unhook  and  drive  off,  and  so  on  until  in  its  progress 
from  beginning  to  end  of  the  plowed  ground,  the  snatch  team 
would  load  all  the  wheelers.  The  length  of  the  plowed  ground 
preferably  should  be  such  that  the  snatch  team  can  load  each 
wheeler  once  without  turning,  and  the  number  of  wheelers  used 
should  be  sufficient  so  that  the  first  would  be  back  for  its  second 
load  as  soon  as  the  snatch  team  had  returned  to  the  beginning 
of  the  plowed  ground  and  gotten  position  for  loading.  This 
ideal  can  not  always  be  realized. 

Reservoir  Work  in  Mass.  As  giving  what  is  probably  a 
maxifiium  cost  we  may -cite  the  Forbes  Hill  Reservoir  previously 
referred  to  (C.  E.  Saville  in  Engineering  Xeics,  May  13,  1902). 
The  material  was  clay-gravel  or  hardpan  requiring  two  teams 
on  a  pavejnent  plow.  A  snap  or  snatch  team  was  used  in  loading 
the  Xo.  3  wheelers,  two  men  holding  the  scraper  handles.  The 
haul  was  250  to  300  ft.  "  The  wheel  scrapers  theoretically  held 
%  cu.  yd.,  but  in  the  material  here  excavated  only  about  % 
cu.  yd.  could  be  readily  loaded  automatieailly.  Under  favorable 
conditions  each  team  averaged  35  cu.  yd.  per  day  (of' 9  horns?) 
making  8  to  10  trips  per  hour."     With  labor  at  15  to  17  ct.  and 
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team  (with  driver)  at  45  to  50  ct.  per  hr.,  the  coat  of  excavating 

nearly  16,000  cu.  yd.  of  hardpan  was: 

Ct.  per  cu.  yd. 

Plowing     : 10.9 

Scraping     22.2 

Unloading  and  spreading  carefully   7.7 

Rolling  embankment    3.9 

To^al    44.7 

The  cost  of  stripping  8,700  cu.  yd.  of  loam  and  Hran'spofting 
to  a  spoil  bank,  (haul  not  given  but  presumably  about  the  same,) 
was : 

'        Ot.  per  cu  yd. 

Plowing 3.4 

Scri(ping 14.0  ! 

Unloading 0.6 

,  Total    ;.■ / 18.0, 

Bearing  in  mind  the  wages  the  cost  was  considerably  above  the 
ordinary. 

Railway  Work  in  Iowa.  The  following  is  from  a  paper  by 
Mr.  J.  M.  Brown  in  Trans,  of  the  loioa  Soc.  of  Eng.,  1885;  Mr. 
Brown's  experience  has  led  him  to  state  that  only  No.  1  and  No. 
.3  wheelers  should  be  used.  The  author  cannot,  agree  with 
him,  believing  that  No.  2  is  the  best  size  for  all  around  work. 
The  following  has  been  abstracted  from  Mr.  Brown's  paper: 

A  No.  1  wheeler  holds  14  '^^-  y^-  °i  earth  (Iowa)  on  an  aver- 
age, and  one  trip  in  2  to  21^  minutes  is  the  a.verage,  \vhere 
the  haul,  i?  100  ft.,  thus  giving  an  output  of  60  cu.  yd.  in  10 
hr.  With  the  following  fqrce,  1  plow,  6  wheelers,  3  loaders, 
1  dumper,  and  1  foreman,  the  cost  was :  . 

Ct-  per  cu  yd. 
Labor,   loading,    dumping,   etc 4.11 

■        Scraping  (100  ft.  haul) 5.83 

Wear  of  tools   ,0.39 

Total'  ■ 10-33 

With  a  100-ft.  haul,  6  wheelers;  with  a  200-ft.  haul,  9  wheelers, 
and  with  a  300-ft.  haul,  12  wheelers  (No.  1)  are  required  to 
move  360  cu.  yd.  in  10  hr.,  according  to  Mr.  Brown,  at  an  added 
cost  of  about  3  ct.  per  cu.  yd.  for  each  100  ft.  of  haul.  We 
believe  this  3  ct.  per  100  ft.  to  be  erroneous  because  Mr.  Brown 
has  made  the  average  speed  of  the  team  too  small  by  failure 
to  subtract  lost  time  at  both  ends  of  the  haul. 

Mr.  Brown  gives  the  following  data  for  No.  3  wheelers;  a 
snatch  team  and  two  men  being  used  to  load;  8  wheelers  each 
moving  40  cu.  yd.  in  10  hr.  -with  a  400-ft.  haul.  With  wages 
at  15  and  35  ct.  we  have: 
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Ct.  per  cu,  yd. 

Plowing     .,.......,,....  1.66    I 

Holding  scraper   • 1.66' 

Dumpman    0-50 

Foreman "■TO 

Scraping   (400-ft.  haul)    V.77, 

Wear  of  tools    0-50 

Total    • 12-79 

.  Mr.  Brown,  adds  two  wheelers  for  each  100  ft.  of  added  haul, 
or  2  ct.  per  cu.  yd.  per  100-ft.  haul,  which,  we  repeat,  is  erro- 
neous. 

Wheeler  Work  on  the  Chicago  Canal.  Extensive  data  on  wheel- 
scraper  work  are  given  in  Hill's  "  Chicago  Main  Drainage  Canal." 
Excellent  papers  on  the  same  subject  by  A.  E.  Kastl  and  Mr. 
E.  R.  Shnable  are  to  be  found  in  the  Journal  of  the  Association 
of  Engineering  Societies,  Vol.  XIV,  1895.  From  these  sources 
we  have  abstracted  the  following  relative  to  costs  on  the  Chicago 
Drainage  Canal: 

The  soil  moved  by  wheelers  was  a  "  fairly  soft  <;layey  loam," 
and  the  average  haul  was  about  400  ft.,  the  material  being 
deposited  in  spoil  banks. 

On  the  Brighton  Division,  Section  K,  68,300  cu.  yd.  were 
moved  in  62  days,  the  average  force  being  23.8  men  and  36.8 
teams  with  drivers.  There  were  two  plows  and  24  No.  3  wheelers 
in  use,  hence  each  plow  loosened  550  cu.  yd.,  and  each  wheeler 
moved  46.1  cu.  yd.  per  10-hr.  day;  while  the  average  output, 
including  snatch  teams  of  which  there  appear  to  have  been 
about  one  for  every  three  wheelers,  and  including  plow  teams, 
was  about  30  cu.  yd.  per  day  per  team. 

For  Summit  Division,  Section  E,  Mr.  Shnable  gives  the  follow- 
ing :  The  haul  was  400  ft.  The  number  of  men  engaged  is  not 
given,  but  we  have  assumed  %  man  per  team,  which  is  not, far 
from  right. 

Total  Daily  aver-  Cost, 

Average  exca-  age,  cu.  yd.  Batio  of  teams              ct. 

,  Fill,    Cjut,  vation,  Per       Per  Wheelers  Wheelers  per 

Stations          ft.       ft.  cu.  yd.  team    whir,  to  plows       to  team  cu.  yd.l 

460  to  470       12       8.0  94,879  29.8       42.2  5  1/3-1       4  4/10-1  15.12 

470  to  480       12       8.3  98.515  27.1       39.3  4  9/10-1       4  4/10-1,  16.6  2 

480  to  490       11       7.0  S5,761  24.4       35.2  4  8/10-1       4  3/lOr-l  18.4  2 

490  to  500         7       3.4  33,185  35.0       50.1  4  9/10-1       4  4/10-1  12.9  3 

500  to  507         7       4^3  29,678  28.3       42.1  4  6/10-1       3  7/10-1  15.9  i 

1  Assuming  2/3  man  i.er  team. 

Material :  2  Very  stiff  blue  and  yellow  clay  with  a  few  large  boulders. 
3  Loamy  clay.    4  Stiff  clay. 

The  table  shows  that  there  were  about  five  wheelers  to  each 
plow,  hence  each  plow*  team  must  have  loosened  about  200  cu. 
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yd.  in  10  hr. ;  the  hardest  section  being  from  Sta.  480  to 
Sta.  490,  where  168  cu.  yd.  was  the  average  per  plow  team 
per  day.  Doubtless  two  teams  were  worked  on  each  plow.  One 
snatch  team  to  every  4.4  wheelers  appears  to  have  been  the  aver- 
age, or  each  snatch  team  loaded  about  J75  cu.  yd.  a  day  at  a 
cost  of  2  ct.  a  cu.  yd. 

Loading  Through  Traps.  Wheel  scrapers  were  used  on  the 
Chicago  Drainage  Canal  for  loading  cars  by  dumping  the  earth 
through  a  platform  into  the  cars;  and  similar  use  of  wheelers 
for  loading  wagons  has  often  been  made  elsewhere. 

The  incline  approach  to  the  platform  need  not  rise  with  a  less 
than  20%  grade,  and  may  have  a  width  of  8  ft.  instead  of  the 
12  used  on  the  Chicago  Canal.  The  cost  of  such  an  incline  ( 12 
ft.  wide  by  120  ft.  long  including  both  approaches)  is  given  at 
$100  ( in  1895 ) .  It  is  not  the  first  cost  of  the  incline,  but  the 
cost  of  moving  it  that  makes  this  method  too  expensive  ordi- 
narily; and  the  shallower  the  excavation  the  more  frequent  the 
moving  of  this  incline.  As  an  expedient  to  reduce  this,  cost  of 
moving  the  incline,  the  author  would  suggest  that  ii  be  ma<ie 
with  two  wooden  stringers  (6-in.  x,6-in. ),  under  the  sills  of  the 
bents  and  that  these  stringers  which  are  to  act  like  the  runners 
of  a  pleigh  be  planed  upon  the  bottom,  and  rest,  upon  cross  ties  or 
skids,  placed  like  railroad  ties,  only  farther  a,part,  say  4-ft.  c.  to  c, 
dressed  on  top  and  well  greased.  Make  the  flooring  as  light  as 
possible,  using  a, very  small  factor  of  ^fety,  and  make  the  incline 
in  two  detachable  sections.  Ten  or  a  dozen  teams  will  then 
readily  "  snake "  the  incline  along  over  skids  laid  in  advance, 
and  lit  will  be  unnecessary  to  take  the  incline  apart  to, move  it. 
By  study  of  the  foregoing  data,  it  will  appear  that  loading  wagons 
by  wheelers  is  cheaper  than  by  shovels,  so  that  if  the  cast  of 
moving  the  incline  is  not  great  the  method  is  a  good  one. 
,,  Wheel  Scrapers  and  a  Wagon  loader.  The  following  descrip- 
tion of  the  R.  C.  Ruthaven  (Buffalo,  N.  Y.)  wagon  loader  is 
fsom  Engineering  News,  Apr.  23,  1896.  In  the  operation  of  this 
device  wheel  scrapers  were  used,  dumping  on  a  platform  7x9 
ft.,  in  size,  2%-yd.  loads  were  dumped  and  then  the  platform 
was  tilted.  The  operation  required  7  sec.  to  throw  the  earth  in 
the  hopper.  From  this  hopper  it  was  ra,ised  ,by  a  bucket  elevator, 
having  22  buckets  of  2  cu.  ft.-  capacity.  This  discharged  into  a 
bin  at  the  rate  of  100  buckets  per  min.  The  engine  was  located 
.beneath  the  buckets  and  it  also  tilted  the  platform  iby  means  of 
a  friction  attachment.  The  machine  was  mounted  on  wheels  and 
was  ,7.  X  20  ,ft.  in  size  exclusive  of  the  tjlting  platform. 

When  working  in  stiff  clay  35  to  40  wagons  holding  2  cu.  yd. 
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each  were  loaded  per  hr.  The  saving  on  street  work  was  10  ct. 
per  cu.  ydv  The  lorce  required  and  their  wages  was  as  follows, 
foreman,  $3;  engineman,  $3;  fireman,  $1.50;  two  men  dumping 
scrapers,  $3 ;  two  men  loading  wagons,  $3 ;  one  man  cleaning  up, 
$1.50;  three  men  loading  scrapers,  ,$4.50-;  Ave  scrape;:  teams  and 
drivers,  $18.75;  one  watchman,  $1.50;  one  water  boy,  $1.00;  two 
plow  teatas  and  drivers,  $8;  tw6  plow  men,  $3.50;  two  men  on 
wagon  dumps,  $3;  ^  ton  of  coal,  $2;  total  per  day,  $57.  Some 
500  to  800  cu.  yd.  were  loaded  per  10-hr.  day  at  a  cost  of  7.1 
to  11.4  ct.  per  cu.  yd. 

Wheeler  Work  Across  a  Svamp.  Engineering  and  Contracting, 
Sept.  4,  1907,  gives  the  following; 

The  following  is.  an  example  of  the  cost  of  scraper  work 
done  by  one  of  thfe  editors  of  this  journal  on  the  grade  of 
a  new  railiroad.  There  were  2,000  cu.  yd.  in  the  cut,  the 
"lead"  being  700  ft.  The  work  was  done  in  the  fall  of -the 
year,  the  weather  conditions  being  very^  favorable;  The, material 
consisted  of  light  red  clay  and  sandy  loam,  turning  into  sand  in 
the  bot£om  of  the  cut.  A  four-horse  plow  team  with  two  men 
■was  used  in  plowing  at  first,  but  when  the  sartd  was  struck  a 
three-horse  plow  team  was  used.  The  snatch  team,  which  at 
fltst  had  ttree  horses  in  it,  was  also  changed  to  two  when  the 
s£ind  was  encountered. 

IThe  embankment  was  made  over  a  tide-water  marsh  that  in 
many  places  would  not  support  a,  man.  In  these  spbts  brush 
was  put  down,  and  the  emlDankment  was  built  in  layers.  The 
first  layer  was  made  by  shoveling  the  dirt  ahead  of  the  wheelers. 
ThiS^  extra  work  made  it  necessary  to  have  four  men  on  the  dump, 
wtich  accounts  for  the  extra  cost  of  dumping. 

Two  men  were  used  to  load  the  scrapers,  which  were  No.  21^ 
wheelers  holding  %  cu.  yd.  place  measurement.     As  in  many  sec- 
tions only  one  man  is  employed  to  load  the  scrapers,  the  cost  in  , 
this  example  is  doubled. 

The  teams  were  all  hired,  with  no  pace-makers  owned  by  the 
contractors  doing  the  work.,'  The  foreman  consequently  had  but 
little  control  over  the  drivers,  who,  for  one  reason  and  another, 
lost  time. 

One  side  of  the  cut  was  a  bluff  about  15  ft.  higl,  against 
which  the  tidewater  washed.  The  teams  could  neither  plow  nor 
scrape  this  side  of  the  cut  down,  so  a  gang  of  extra  men  under 
a  foreman  pulled  this  material  down  with  pick  and  shovel^  mov- 
ing just  fendugh  of  it  so  the  scrapers  could  pick  it  up.  It  will 
be  noticed  that  distributing  this  cost  over  the  whole  yardage 
moved,  it  amounted  to  7.2  ct.  per  cu.  yd. 

The  wages  paid  for  a  10-hr.  day  were: 
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Foreman    $3  00 

Extra   foreman    .........'.  250 

Scraper  team  and  driver 4!75 

4-horBe  plow  team  and  2.  m^n  '.'.'.'.'.  9^20 

3-horse  snatch  team  and  1  man  ".'.'.'  6.00 

3-horse  plow  team  and'  2  men   ..'.  7*60 

: 2-liorse  snatch  team  and  1  man  ',  460 

Loaders    '. ;... ''  i'60 

■'•'^     Laborers    ..•....■ I'SO 

,,,       Wat^r  boy  i.!..!.... !!!!.!.'!    lioo 

The  foremen  were  paid  for  every  working  day  in  the  week 
whether  it  was  possible  to  work  the  teams  or  not.  The  rest  of 
the  forces  were  only  paid  for  the  actual  time  they  made.  An 
average  of  seven  scrapers  were  worked  each  day. 

The  entire  cost  of  the  work  was: 

iForeman,  13  9/10  days $41-70 

Scrapers,  88  3/10  days   419.42 

4-horse  plowing,  8,  days   «.,.  ..>..,; 78.20     ; 

3-l;orse  plowing,  3  7/10  days  27.75 

3-h6rse  snatch,   SVz  days    ;....' 43.00 

2-horse  snatch,  3  7/10  days '  17.02    .       ,  . 

i       Loaders,  24  4/10  days  39.04 

Dumpers,   43  3/10  days    ; 64.95 

Water  boy,  3%  days   ,;. ; 3.50 

Total ;    $734.58 

Extra  men  pulling  down  bank: 

Foreman,   4%  days $11.25 

Extra  men,  88  days   ..•!..... 132.00 

Grand  total  cost  $877.83 

This  gives  us  a  dost  per  cu.  yd.  as  follows: 

•  < ',  Foreman    $0.02 

.  r      Scrapers    21 

Pld-«ring 053 

Snatching,   .03;  loaders,   .02  05 

Dumping     033 

Water  boy .001 

Total  scraper  work    $0,367 

Tearing  down  bank: 

Foreman    $0,006 

Extra    men 066 

Total •• :    $0,072 

Grand  total  per  cu.  yd $0,439 

An  analysis  of  the  cost  gives  us  the  following  information:' 
A  scraper  team  traveled  6  miles  per  day.  They  should  have 
covered  a  much  greater  distance  than  this. 

The  plow  rteam  loosened  164  cu.  yd.  per  day.  This  was  all 
that  was  needed,  hut  much  more  work  could  have  been  dori^  hy 
this  team.     The  snatch  team,  of  course,  loaded  the  same  amount. 
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They,  It'odi  could  have  handled  more  yardage,  serviiig  the  Same 
number,  of  scrapers.        ..  ,  , 

The ;  average  yardage  per  scraper  was  23,  while  the  average 
yardage  for  all  teams  engaged  was  15.5. 

Four  Examples  of  Wheeler  Work  on  Railways.  Four  ex- 
amples., of  cost  of  wheel  scra,per  work  are  given  in  Engineermg 
and  Contracting,  Sept.  25,  1907.  They  are  all  Work  done  in 
grading  raikoadp.     TJje  wages  paid  for  a  lO^hr.  day  were: 

foreman... ............'. $3.00 

^r^per  team  and  driver 4.75,. 

4-horse  plow  team  and  i2, men   9.20 

3-liorse  snatch  team  and"!  man  6,00-'-  ''    ', 

Loaders    , l-ifiO  .,■!  i 

Dumpmen 1.50 

W*ter  boy...... 1,00 

The  teams  were  hired,  and  the  fact  that  work 'was  plentiful 
in  that  section  of  the  country  made  the  teamsters  very  inde- 
pendent, which  helps  to  account  for  some  of  the  high '  cost. 

A  four-horse  plow  team  was  used  to  loosen  the  dirt,  and  a 
three-horse  snatch  team  was  used-  in  loading  the  scrapers.  The 
wheelers  were  No.  2%,  holding  %  cu.  yd.  place  measurement. 
Two  men  were  used  to  load  the  scrapers,  which  resulted  in  quicker 
loading  than  where  only  one  man  was  used.  Two  men  also 
dumped  the  scraper,  except  in  Example  No.  1  There  was  no 
need  for  this,  except  that  a  man  could  Tiot  be  made  to  dump  the 
scrapers  without  help.  This  of  course  doubled  the  cost  of 
dumping.  All  the  work  was  done  in  the  fall  of  the  year,  the 
weather  being  very  good  fo'r  grading  work. 

Example  I,  The  material  in  this  case  was  a  sandy  loam,  easily 
pfowed  and  scraped,  so  as  to  make  a  heaping  scraper  load.  The 
lead  was  260  ft.,  the  distance  traveled  on  each  trip  by  a  team 
being  600  ft.  This  made  a  total  distance  per  day  for  scraper 
of  about  12  miles.     The  cost  was  as  follows: 

Per  eu.  yd. 

Foreman    J0.017 

Scrapers    138 

Plowing  ■  ..'.•.. .052 

Snatching ;034 

Loaders    018 

Dumping  ' '.'.'... 008 

Water  boy 006 

,,,,  ;       Total J0.273 

Tile  average  yardage  moved  per  day  for  a  scraper  was  34,  while 
per  team  employed  it  was  21. 

Example  II.  The  material  on  this  job  was  a  good  clay.  Five 
scrapers  were  worked  in  a  "gang  in  this  example  as  well  as  in 
Example  I.     The  lead  was  300  ft.,  while  the  average  distance 


SCRAPERS  AND  GRADERS  287 

traveled  to  the  dump  and  back  was  about  700  ft.,  whidh  meant 
a  total  distance  covered  each  day  by  a  scraper  team  was  abojit 
12  miles,  i  The  cost  was  as  follows:  ,, ,, 

Per  cu.  yd.     ' 

'     Poreman     JO.019 

I       Scrapers  ; , , , . .        .Igg,     

Plowing OBt 

Snatching     ....'     .OSt ' 

Loaders    ]020 

Dumping     016 

■'        '   Water  boy   , .004    ' 

Total    J0.311 

The  average  yardage  moved  per  scraper  per  day  was  30  while 
per  team  employed  it  was  19. 

Eieampie  III.  The  material  in  this  cut  was  wet  clay,  made  so 
by  some  heavy  rains  and  springs  that  were  struck  in  the  groujid. 
The  lead  was  400  ft.,  while  the  distance  traveled  on  each  trip 
was  1,000  ft.,  making  a  total  distance  traveled  per  scraper  per 
day  of  12%  miles.  The  dump  was  on  marshy  land  which  made 
necessary  an  extra  laborer  on  the  dump  who  shoveled  dirt  ahead 
of  the  teams.     The  cost  was  as  follows: 

Per  cu.  yd. 

Foreman    ?0.026 

Scrapers    216 

Plowing    .080 

SAatching     052 

Loaders 028 

,     .         Dumping     039 

Water  boy  009 

Total    $0,430 

The  number  of  wheelers  worked  in  a  gang  was  five. ,  The  aver- 
age yardage  moved  by  each  scraper  was  22,  while  that  per  team 
was  13. 

Example  IV.  This  material  was  a  fine  sand,  into  which  the 
wheels  sank  so  the  scraper  bowls  dragged  on  the  ground. '  Six 
perapers  worked  in  a  gang.  The  lead  was  500  ft.,  the  average 
distance  traveled  going  to  the  dump  and  returning  being  1,000 
ft.,  making  the  distance  covered  per  day  for  scraper  12%  miles. 
The  cost  was : 

Per  cu.  yd.' 

Foreman      ••••.    W.024 

Scrapers    222 

Plowing    : 073 

Snatching     ~ 050 

Loaders : '■        -026 

Dumping     * 027  i 

Water  boy   .008 

Total    $0,430 
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The  average  yardage  moved  per  scraper  was  211^;  per  team  it 
was  13.   -  . 

The  plow  teams  loosened  in  the  four  examples  respectively  170, 
150,  115  and  125  cu.  yd.  This  did  not  keep  them  busy  during 
the  day,  as  they  could  have  readily  loosened  twice  the.  amount 
they  did.  The  snatch  team  could  also  have  loaded  a  greater 
yardage.  This  shows  that  there  were  not  enough  scrapers  worked 
in  a  gang. 

The  yardage  moved  by  a  scraper- as  the  haiil  is  increased  was 
as  follows: 

~  Cu.  yd. 

260  ft.  lead   34 

300  ft.  lead   30 

400  ft.  lead  22 

500  ft.  lead  21% 

It  will  be  noticed  that  in  all  cases  a  scraper  team  traveled 
between  12  and  12%  miles  per  day.  It  could  have  been  possible 
to  have  covered  a  greater  distance. 

Wheel  Scraper  Work  on  a  Kailroad.  Engineering  and  Gon- 
tractingj  Jan.  22,  1908,  gives  the  following: 

The  work  was  done  on  a  railroad,  in  one  cut,  the  material 
being  hauled  two  ways.  In  the  cut  there  were  2,453  cu.  yd.,  and 
1,320  cu.  yd.  were  hauled  one  way  to  an  embankment,  the  average 
"  lead  "  being  260  ft.,  making  a  run  of  about  620  ft.  for  a  trip  to 
the  dump  and  back.  A  four-horse  plow  team  with  two  men  and 
a  snatch  team  of  two  horses  and  a  driver  were  used.  Two  men 
manipulated  the  bar  and  catch  in  loading  the  scrapers.  One 
man  did  the  dumping".     The  cost  of  this  was: 

Foreman,  7%  days  at  $3  $  22.50 

ScraperSi,38-days  at  $4.75 180.50 

Plowing,  7%  days  at  $9.20 69.00 

Snatching,  7%  days  at  $4.75  35.62 

Loading,   16  days  at  $1.60   ,     24.00 

Dumping   0.016 

Water  boy,  7%  days  at  $1  : 7.60 

Men,  2  days  at  $1.60 3.00 

-Total    $353.37 

Jjhie  last  two  men  were  engaged  in  cutting  down  the  slopes  and 
dressing  them.  The  cost  per  cubic  yard  for  each  item  was  as 
follows: 

Foreman    $0,017 

Scrapers    0.137 

Plowing     , 0.052 

Snatcliing 0.027 

Loading     '. . .  0.018  v. 

Dumping,  1^  days  at  $1.50  11.25 

Water  boy    0.006 

Sloping     0.002 

Total  per  cii.  yd $0,267 


SCRAPEKSAND  GRADERS  289 

Each  scraper  team  traveled  about  12  miles  p6r  day.  The 
scrapers  were  Nos.  2^  and  held  %  cu.  yd.  place  measurement. 
The  average  yardage  moved  per  scraper-day  was  34,  while  the 
average  per  team  worjied  was  21. 

From  the  other  end  of  the  cut  1,133  cu.  yd.  were  excavated,  and 
moved  an  average  distance  of  400  ft.  On  the  260  ft.  "  lead " 
five  scrapers  were  worked,  but  with  the  longer  haul  another 
scraper  was  added.  As  the  embankment  was  across  a  marsh 
of  very  soft  material,  two  men  were  needed  on  the  dump  to  help 
dump-  and  handle  the  material.  More  men  were  put  at  work 
on  the  slopes  so  as  to  have  them  done  when  the  cut  was  flnishedi. 
The  cost  of  this  end  of  the  cut  was: 

Foreman,  6  daj  s  at  $3  {  18.00 

Scrapers,  38  days  at  $4.75   180.50     ' 

Plowing,  6  daj's  at  ?9.20  55.20 

Snatchjng  6  days  at  $4.75   28.50 

Loading,   12  days   at  $1.60   19.20 

Dumping,  12  days  at  $1.50  18.00 

Water  boy,  6  days  at  $1   6.00 

Sloping,  30  days  at  $1.50  45.09 

Total $370.40 

The  cost  per  cubic  yard  was  as  follows: 

Foreman    .' $0,016 

Scrapers    0.160 

Plowing     0.048 

Snatching    0.025 

Loading     0.017 

Dumping     0,006 

Water  boy    0.005 

Sloping     0.04P 

Total  per  cu.  yd $0,327 

Each  scraper  traveled  15  miles  per  day,  and  hauled  30  cu.  ydL 
The  average  moved  per  team  worked  was  20  cu.  yd..,; 

For  the  entire  cut  of  2,453  cu.  yd.  the  average  cost  was  $0,295 
per  cu.  yd.  The  average  amount  moved  per  seraper-day  was 
33.5  cu.  yd.  for  an  average  "lead"  of  325  ft. 

The  Cost  of  Scraper  Work  in  Freezing  Weather  is  described  in 
Engineering  and  Contracting,  Feb.  12,  1908.  This  work  was  done 
during  the  early  part  of  the  winter  before-  the: heavy  snows  fell, 
and  while  the  thermometer  was  below  the  freezing  point  during, 
most  of  the  day,  and  at  night  frequently  registered  as  low  as; 
zero.  The  contractor  had  one  scraper  gaiig  at  work  and  was. 
anxious  to  keep  his  teams  going  as  late  in  the  season  as  pos- 
sible, as  he  had  a  large  amount  of  earthwork  that  would  have, 
to  be  done  during  the  following  summer. 

The  following  wages  were  paid  for  a  10-hr.  day: 
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Foi-eman ■■■■■    $3.00 

Laborers    1-50 

,  Teams,  1  driver.  2  horses  3.50  '  ^  < 

The  material  could  be  classed  as  "average  earth"  as  a  2-horse 
railroad  plow  wbuld  loosen  it,  and  keep  enough  ground  plowed 
for  the  scraper  galrig.  Owing  to  the  ground  freezing,-  4  horses 
had  to  be  used  on  the  plow,  and  plowing  had  to  be  done  both 
day  and  night,  or  else  the  ground  became  so  hard  it  could  not 
be  broken  up.  Places  that  were  not  plotved  continually  did 
freeze  so  hard  that  work  had  to  be  abandoned  there  until  the 
following  spring. 

No.  3  Western  wheelers  with  gates  on  them  were  used.  The 
average  "  lead "  was  250  ft.,  the  material  being  carried  in  one 
direction  only.  ,Five  scrapers  were  worked  in  the  run,  each 
scraper  averaging  36  cu.  yd.  per  day.  As  each  scraper  carried 
about  %  cu.  yd.,  place  measurement,  this  meant  that  the  teams 
traveled  about  9  miles  per  day.  One  man  loaded  the  scraper,  with 
the  help  of  a. 2-horse  snatch  team,  the  driver  of  this  team  hitching 
them  to  the  scraper  and  unhitching  them,  as  well  as  driving  the 
team. 

The  cost  per  cubic  yard  for  the  work  was  as  follows: 

Foreman    $0,017 

Scrapers    0.097 

Plowing    O.DM 

Loading    0.008 

Snatching    , :.  0.019 

Dumping > 0.008 

'       Extra    men    i  0.016 

Total  per  cu.  yd $0,259 

The  two  extra  men  were  used  to  load  the  large  frozen  clods 
on  top  of  the  scraper,  after  it  was  loaded,  and  as  it  was  about 
to  pull  away  from  behind  the  snatch  team.  Que  man  stood  at 
each  side  of  the  scraper,  as  it  was  being  loaded  with  several  large 
clods  in  his  arms  ready  t#- throw  them  on,  as  the  wheelers  were 
loaded.  If  these  clods  became  ivery  plentiful  at  any  particular 
place,  these  men  would  load  ■  several  scrapers  entirely  with  clods, 
l)y  hand,  and  thus  have  'ihem  carried-  out  of  the  cut,  They  did 
more  of  this  work  in  the  fore'  part  of  lithe,  (lay,  as  during  the 
night  a  great  many  clods  were  made  in  the  plowing.  'Jhese  men 
also  kept  up  a  wood  fire  at  which  th§  men  could  yarm  them- 
selves from  time  to  time.  ,  ,  :      ,      ,-;■!., 

The  c6st  of  plowing  was  high,  ;as.  plowing;  wfas  done  with  4 
horses  both  day  and  night,  as  previously  stated.  :i. If  tliis  had  not 
been  necessary  the  plowing  could  have  been  done  for  less,  than  3 
Ct.  per  cu.  yd.     Of  the  total,  cost  per  cu.  yd.,  at  least  8  ct.  can 
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be-charged  directly  to  the  cold  weather,  and  2  or  3  ct.  of  indirect 
charges  can  also  be  accounted  for  m  ■  the  same  way,  as  in  good 
weather  this  scraper  work  only  cost  the  coiitractor,  including 
general  expenses,  15  or  16  ct.  per  cu.  yd. 

'  Cost  of  Wheeler  Grading  In  Winter.  ,  Engineering:  and  Con- 
tracting, Feb.  26, '!I908,  Ogives  the  following:  .:     ,.|,  ; 

In  grading' a  railroad  a  section,  of  a  wagon  road  had  to,  be 
built,  and  in  order  to, carry  on  the  railroad  work  the.  wagon  road 
had  to  be  graded  during  the  winter  months.  The  road  was 
2,800  ft.;long  and  30  ft.  wide  in  the  cuts,  with  &,  ditch  on  either 
side,  1  ft.  deep,  1  ft.  wide  on  the  bottom,  and  3  ft.  across  the 
top.  The  embanknient  was  26  ft.  wide.  There  were  '  3,936  cu. 
yd.  of  excavation  m^de  from  the,,cutsi  and  ^ borrow  pits.  The 
greatest  depth  of  excavation  was  about  5  ft.;  it  averaged,  in  most 
places,  alidut  3  ft. 

The  work  was  commenced  during  the  last  week  of  January, 
when  the  Weather  was  fairly  good,  and  the  lightest  grading  work 
wap  .done,  [before  ;the  worst  weather  set ,  in.  .  A  10-hr.  day  was 
worked,  the  following  wages  being  paid:      .     '  ' 

.     Foremen v .^.,42.50  and;?  ,3,00 

Spraper    tesvia ^ 4,75 

'"     Ploti^  learn,  4'1iorseSaiid  2  inen  '..';.;.......'..  .'...Ll.i. .:.    9.20 

Snatch  team,  3  horses  and  driver  ■>.. I. ....:.....    6.00  , 

Loaders    1.00 

Laborers ,. ..., , ,-.....    ,1.50 

WdgOn  teams    4.75 

Boad  machine,  8  horses  and  3  men , 17.50 

Two  scraper  gangs  worked  during  January,  and  1,194  cu.  yd. 
were  moved  in  3  days.     The  cost  of  this  was : 

Foremen,   6  days  "at  P  ?  18.00 

Scrapers,  45  days  at  $4.75   ...., 213.75 

■  Plowiiig,  3  days  at  $9.20  ..'..; 27.60 

'■•<>     i  Snatchiteamv  6  days  at  $6  ...,; 36.00 

Loaders,   12   days   at  $1.60   .s ...,.., , 19.20 

Dumping,   12  days  at'^$l.BO '.....'....'.■.... 18.00 

Total    ..■ $332.55 

The  average  "  lead  "  on  this  yardage  was  300  ft.  The  c6st  per 
cu.  yd.  for  each  item, was  as  follows: 

Foremen     .-. .- ' '. $0,015 

Scrapers     0.179 

:         .  Plowing 0.023 

,.          Snatching 0.030 

"I  '  ■  Loading .'.  .h  .  ..i ...;.... 0.016 

-Hi'i.l  Dumping,    ,,.|.. ....,; 0.015 

■'        Total    ...'. .;.'.......,. :' $0,278 

iWith  the  ,w;age8  paid,  and  for  scraper  work,  in  January,  this 
was  a  reasonable. cost,    Xhe;  cost,  of  , plowing  if  as.  low,  about  half 
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of  what  it  would  have  been  had  two  plows  been  used,  butfone 
plow  team-  did  the  loosening  for  the  two  gangs.  Each  scraper 
moved  26%  cu.  yd.  per  day. 

While  this  work  was  going  on,  a  foreman  and  crew  of  men  were 
laying  some  12-in.  terra  cotta  drain  pipes  across  the,  roadbed. 
Three  such  pipes  were  laid,  aggregating  123  lin.  ft.,  the  work  in- 
cluding the  ditches  for  them,  as  well  as  some  small  details  to  take 
the  water  to  and  away  from  them.     The  cost  of  this  work  was: 

ForemazL,  1  day  $  2.50    , 

Laborers,   14%  days    21.75 

;.      Total $24.25 

This  made  a  cost  per  lin.  ft.  of  pipe  of  the  following: 

Foreman $0,020 

Laborers 0.175 

i      ,  Total ...., :..... $0,195 

The  work  was  finished  during  February,  but  for  10  days  of  the 
17  worked  it  was  bitter  cold  and  light  falls  of  show  occurred. 
The  ground  froze  to  the  depth  of  a  foot  and  the-  work  was  more 
expensive  than  that  doiie  in  January.  One  scraper  gang  worked, 
the  cost 'of  it  being  as  follows: 

Foreman,    165   days    $     50.40 

Scrapers,  131-.4- days 624.15 

Plo*mg,  16.8  days 154.66 

Snatch  team,  16.8  days   100.80. 

Loaders,    33.6   days  , 53.76 

Dumps,  33.6  days   50.40 

Total    $1,034.07 

The  yardage  movpd  during  this  time  was  2,539,  the  average 
"  lead  "  being  350  ft.  Each  scraper  moved  about  19  cu.  yd.  per 
day.     The  cost  per;  cu.  yd.  for  each  item  was : 

Foreman    $0,019 

Scrapers    0.245 

,,,,.    ,   Plowing     .., , 0.060 

Snatching 0.021 

Dumping     .' 0.020 

Total    $0,405 

In  addition  to  this  cost,  the  ground  for  a  number  of  days  had 
to  be  thawed,  and  two  days  of  the  coldest  weather  the  teams  could 
not  work.  Wood  was  used  to  thaw  the  ground,  the  wood  heing 
cut  on  the  right  of  way,  thus  saving  the  price  pf  stumpage  to  the 
contractor.  It  was  hauled  in  dump  wagons ;  each  wagon  hauled 
abbut  %  a  cord  per  load,  and  lUade  four  loads  per  day;  making 
a  total  of  2  cords  per  wagon-day.     A  crew  of  men  cut  the  wood 
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and  loaded  it  on  the  wagons.  Two  men  built  the  fires,  and  main- 
tained them.  In  all  about  28  cords, of  wood  were  used  for  the 
thawing.  The  fires  were  built  in  long  wijudrows,  and,  ag  soon  e^s 
the  ground  was  somewhat  thawed,  the,,  ashes  o^  the^res  yfere 
shoveled  to  one 'side,  and  a  fire  built  up  in  another  windrow. 
While  this  was  burning  up,  a  four-horse  plow  team  with  a  pick 
pointed  rooter  plow,  broke,  up  the  ground  that  had  been  thawed. 
This  material  broke  up  into  clods  which  were  hard  to  load  into 
the  scrapers.  The  plow  p6int  was  "broken  frequently,  and  an 
extra  one  was  kept  in  the  tool  box  J;o  replace  it. 

After  the  foot  of  frost  was  loosened  and  excavated,'  the  plowing 
was  done  by  a  }ieavy  railroad  plow.  At  night,  before  stopping 
work,  the  entire  excavation  was  plowed  over  nearly  a  foot  deep; 
this  prevented  the  ground  .from  freezing  so  solid  during  the 
night  that  the  rooter  plow  could  not  loosen  it  the  next  moriiih^l- 

The  cost  of  cutting  and  hauling  the  wood,  arid  maintaining 
the  fires  was: 

■\yagons,   14  days   $66,50 

ll^aborers,   21  days    ; 31.50 

::Total $98.00 

,,  This  cost  must  be  added  to  the  other.  Distributed  over  the 
total,  yardage  moved  during  the  month  this  makes  an  additiohal 
J5(jst  of  3.8  ct.,  giving  a  total  cost  of  44.3  ct.  per  cu.  yd.  Natur- 
ally, jtlie  extra  cost  owing  to  the  frozen  ground  is  not  covered 
by.  this  one  ^tem  of  3.8  ct.,  for  a  comparison  of  the  February 
itemized  cost  with  that  of  January  shows  a  difi'ei'ence  of  12.7 
ct.  The  cost  of  plowing,  is ,  more  than  double  that  of  January, 
owing  to  a  great  extent  to  the  fact  that  during  February  the  plow 
loosened  ground  for  the  one  gang  of  serapers  only,  while  during 
January  it  worked  for  two  gangs.  The  haul  in  February  had 
been  increased  by  50  ft.  Of  -the  total  diflFerence  in  cost  at  least 
13  ct.  can  be  directly'  charged  to  the  cold  weather  and  freezing 
ground.  ,.     .     ,  ; 

Of  the  ground  actually  thawed  'by  the  wood  fires  there  were 
about  1,511  sq.  yd.  The  cbafof  thawing  this  was  about  6i^  ct. 
per  sq.  yd.  A^  the  frost  penetrated  the  ground  about  one  foot 
fliis  meant  that  503  cu.  yd.  Of  earth  had  to  be  thawed,  at  a  cost 
of  19  ct.  per  cu.  yd.  The  material  was  a  red  sandy  clay.  Dur- 
ing the  rest  of  the  time,  after  the  freeze,  it  was  very  muddy  and 
difficult  to  handle. 

Fig.-  11  shows  a  cross  section  of  the  road  as  it  was  actually 
built.  The  trimming  and  dressing  outside  of  the  ditches  were 
done  by  a  road  machine  immediately  after  the  scrapers  finished 
the  work.     Owing  to  the  winter  weather  eight  horses; had i to.  be 
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used  on  the  machine,  and  this  meant  an  extra  driver.  The  mud 
made  the  work  difficult.  The  most  of  this  was  $43.75  for  21^ 
days''Work.  As  the  banks  were  26  ft.  wide,  the  total  area  dressed 
by  the  machine  was  7,467  sq.  yd.,  which  gave  a  cost  for  'trim- 


Fig.  11.     Cross  Section  of  Road  as  Built. 

ming  and  dressing  with  the  machine  of  0.6  ct.  per  sq.  yd.  This 
cost  distributed  over  the  yardage  moved,  namely,  3,936  cu.  yd., 
made,  1.1  ct.  per  eu.  yd. 

A|ter  the  weather  had  settled  in  the  spring  and  the  ground 
had  dried,  a  force  of  men  under  a  foreman  was  put  to  work 
cutting  the  ditches  in  the  cuts.     The  cost  of  this  was: 

Foreman,   4  days    , $10.00 

Laborers,  37  days    55.00 

Total ; $65.50 

Prom  the  ditches,  213  cu.  yd.  were  excavated,  which  meant  a 
cost  of  30.7  ct.  per.  cu.  yd.-,  and  as  there  were  3,075  lin.  ft.  of 
ditch  the  cost  per  lineal  foot  was  2.1  ct.  Distributed  over  the 
total  yardage  excavated,  it  gave  a  cost  of  1 .7  ct.,  making  the 
total   cost  of  trimming  and  dressing  per  cu.   yd.   as   follows: 

Work  with  road  machine   1,1  ct. 

Work  by  hand  ., 1.7  ct. 

Total  per  cu.  yd.    : 2.8  ct. 

This  would  also  have  increased  the  cost  per  sq.  yd.  more  tha,n 
1  ct.  If  the  cross  section  of  the  road., had  been  as  shown  in 
Fig.  12,  the  road  machine  would  have  done  all  the  dressing  ^  and 
trimming  and  the  $65.50  could  have  been  saved.  This  clearly 
demonstrates  that  the  more  economical  design  is  that  illustrated 
in  Fig.  12.  It  must  be  remembered  that  the  drainage  can  be 
amply  cared  for  by  the  crown  and  the  extra  height  of  the 
metal.    " 

The  road  was  given  a  metal  coat,  supposedly  6  in.  thick,  16  ft. 


Fig.  12.     Cross  Section  of  Road  as  It  Should  Have  Been  Built. 
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wide,  of  oyster  shells.  On  account  of  the  mud  in  some  places 
the  shells  were  much  thicker.  These  shells,  12,300  bushels,  were 
delivered  at  a  wharf  near  by  on  board  of  large  scows,  and  were 
hauled  in  market  wagons  an  average  distance  of  4,500  ft.  The 
shells  were  loaded  by  scoop  shovels,  and  the  wagons  had  two 
lioles  cut  in  the  bottoms.  This  allowed  the  shells  to  be  dumped 
out  of  the  end  of  the  wagon  and  through  the  holes.  One  man 
with  a  large  rake,  a  fork  and  a  shovel  spread  the  shells.  The 
cost  of  this  work  was: 

Foreman,  5.8  days   ; %  14.50 

Wagons,  45.3  Hays 215.17 

Men  loading,   17.4  4ays 26.10 

Man  spreading,  5.8  days  8.70 

Total    J264.47 

This  made  a  cost  for  hauling  and  spreading  of  11.5  ct.  per 
bushel.  The  shells  were  only  put  on  about  2,300  lin.  ft.  of  the 
road,  giving  about  4,100  sq.  yd.  The  shells  cost  7  ct^  per  bushel 
delivered  at  the  wharf.  This  gave  a  cost  per  sq.  yd.  of  shells 
in  place  as  follows: 

Shells     21'   ct. 

Labor  and  hauling  '. .    11.5  ct. 

Total     32.5  ct. 

The  shells  were  not  rolled,  but  they  were  first  placed  on  the 
road  nearest  the  wharf,  and  the  loaded  and  empty  wagons  hauled 
over  them.  As  any  holes  developed,  additional  shells  were  placed 
in  them. 

The  total  cost  of  the  work  was  as  follows:  • 

,       Scraper  work $1,366.62 

laabor  of  laying  drain  pipe  1 24.25 

123  lin.  ft.  12  in.  T.  C.  pipe  at  30  ct 36.90 

Thawing    ground    98.00 

Koad  machine  work  43.75 

Ditching  in  cuts 65.50 

12,300  bu.  shells  at  7  ct ,...,. 861.00 

Labor  of  placing  shells  ...  — 264.47 

Total $2,760.49 

All  of  this  -work  could  have  been  done  cheaper  if  it„had  not  been 
the  dead  of  winter.  Even  the  shells  could  have  been  bought  for 
4  or  5  ct.  per  bushel  during  the  summer. 

Comparison  of  Cost  of  Wheel  and  Drag  Scraper  Work  in  Uis- 
sisslppi.  Cost  data  on  the  enlarging  of  a  log  pond  are  given 
by  M.  E.  Allen  in  Engineering  and  Contraating,. March  4,  1908. 
The  work  required  the  excavation  of  the  end  bank  of  an  old  pond 
and  the  extension  of  the  side  banks  a  distance  of  350  ft.  The 
area  of  the  pond  was  increased  from  one  to  four  acres. 
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As  the  site  was  full  of  pine,  oak  and  gum  stumps  of  consider- 
able sizei  and  extremely '  difficult  to  dislodge'  except  with  dyna- 
mite,! it  was  decided  to  raise  the  old  banks  1  ft.,  giving  a  depth  of 
8  ft.  where  the  log&  are  unloaded  and  a  minimum  depth  of  3  ft. 
6  in.  in  the  far  end  of  the  pond  over  the  3-acre  addition.  In 
carrying  out,  this  plan  it  was  decided  that  all  stumps  be  sawed 
off  at  the  ground,  and  that  only  enough  dirt  be  excavated  from 
the  new  pond  site  to  .build  the  banks,  and  that  dirt  be  borrowed 
from  the,  most  advantageous  places. 

The  cross  sections  showed  that  the  banks  would  require  2,028 
cu.  yd.  It  was  estinjated  that  by  doing  the  excavation  by  com- 
pany's forces  and  teams  the  cost  would  not  exceed  $400. 

There  were  on  hand  four  %  cu.  yd.  wheel'  scrapers  and  two 
"  slips."  As  there  were  100  lin.  ft.  of  bank  so  situated  that  dirt 
could  be  obtained  right  at  hand  and  -vyithout  plowing  it  was 
decided  to  let  the  slips  handle  the  162  cu.  yd.j  and  compare  the 
costs  fori  slips  working  under  most  favorabl,e  conditions  apd 
wheelers  under  average  conditions., ,  The  two  slips  finished  the 
162  cu.  yd.  in  4.S  days,  and,  as  the  unit  cost  was  found  to  exceed 
that  of  the  wheelers  under  less  favorable  conditions,  their  use 
was  discontinued. ..,'......  . .     ■  \ 

The  total  cost  of  all  the  grading  with  slips  and  with  wheelers 
was  as  follows: 

Forpman,  17.5  days  at  $3    $52.50    ,' 

Labor;  165.9  days  at  ?1    '. 165.90 

Teams,  145  days  at  $0.77   111.65- 

Total $330.05 

The  cost  per  cu.  yd.  was  16.3  ct. 

The  cost  under  teams  includes  only  the  actual  cost  pf  feed 
used,  for  the  teams  were  all  compaliy  property.  The  drivers  are 
listed  uilder  labor. 

To  arrive  at  a  comparison  for  wheeler  and  slip  wbrk,  33%  of 
the  foreman's  time  was  charged  to  the  latter  during  the  first  4.5 
days  that  the  slips  were  used.  This  gave  a  cost  for  the  slip  work 
as  follovys: 

1  foreman,  4.5  days  at   (%  of  $3)  $1  $  4.60  ' 

i  men,  4.5  days  at  $1  18,00 

2  teams,  4.6  days  at  0,77  6.93 

Total    •: $29.43 

This  gave  a  cost  per  cu.  yd.  of  18.2  ct. 

The  cost  of  the  wheel  scraper  work  alone  was  16.1  ctj'  per  cu. 

yd. 

The  average  number  of  cu.  yd.  handled  per  scraper-day  was 
29.6.     The  average  lead  was  150  ft. 
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Nine  Examples  of  the  Cost  of  Wheel  Scraper  Work.  ,  (See  En^ 
gineering  and  Contracting,  July  8,  1908. )  Some  of  these  examples 
have  already  been  given  but  their  costs  are  repeated  here  for 
comparison.  •  ,   , 

The  cost  records  were  kept  in  grfeat  detail..  In  every  case  thp 
work  done  was  in  grading  a  railroad  bed  and  No.  2:^  wheelers 
were  used. 

The  wages  paid  for  a  10~hr.  day  were  as  follows: 

Foreman     '. JS'OO 

Scraper  team  and"  driver ." 4,75 

4-horse  plow  team  and  2  men 9.20 

3-liorse  snatch  team  arid  1  man 6!00 

Loaders x'gO 

Dump    men    ' I'so 

Water    boy    ; 1.1)0 

The  grading  was  done  in  the  fall  of  the  year  with  good  weather 
prevailing.  'TThe  material  excavated  was  red  clay  subsdil  with 
some  sand  mixed  with  it.  The  tfe'ams  were  hired,  the  contractor 
furnishing  the  scrapers,  plows,  etc. 

Table  1  gives  the  length  of.  the  lead  in  feet,  the  lead  being 
the  distance  in  a  straight  line  from  the  center  of  mass  in  the 
e.tcavation  to  tlie  center  of  mass  of  the  embankments  The  length 
of  the  haul  exceeds  the  lead,  the  haul  being  the  average  distance 
traveled  by  the  scraper  in  going  to  and  from  the  dumpj  including 
the  distance  traveled  in  turning  at  both  ends  of  the  haul. 

A  crew  consisted  of  a  foreman,  a  4-horse  plow,  a  3-horse  snatch 
team,  2  lodders,  2  dump  men,  a  water  boy  and  the  given  number 
of  wheeled  scrapers.  .  . 

In  Table  2  the  cost  of  the  work  is  given,  showing  the  cost  of 
each  item  separately. 

These  costs  do  not  include  any  allowance  for  plant  or  main- 
tenance and  repairs  to  plant.       ..  , 

These  records  are  not  given  teither  as  ideal  records  or  as  eco- 
nomical examples  of  scraper  work,  but  may  be- of  benefit  to  those 
interested  in  scraper  work. 
Mt  would  seem -that  the  distance  covered  per  day  by  each 
scraper  in  the  first  two  examples  was  much  less  than  it  should 
have  been,  as  in  other  '  examples  each  scraper  team  covered 
more  than  16  miles.  Under  these  -  circumstances,  if  the  foreman 
did  hot  allow  his  men  and  teams  to  loaf,  time  must  have  been 
wasted  by  the  scrapers  in  waiting  to  be  loaded,  thus  showing 
that  too  many  scrapers  were  worked  in  the  run.  This  is  evident 
for  another  reason.  With  a  haul  of  600  ft.,  with  a  team  travel- 
ing at  the  rate  of  200  ft.  per  min;^  which  is  not  excessive  even 
over  such  ground.^  as  a  scraper  is  used  upolt,  the  scraper '^should 
make  the  round  trip  in  3  min.     It  takes  not  over  a  minute  to 
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load  a  No.  21^  wheeled  scraper  under  fair  conditions,  hence  from 
the  time  the  scraper  leaves  the  cut  to  its  return  only  3  scrapers 
have  been  loaded,  with  the  result  that  the  scraper  must  wait  a 
minute  whil?  the  fifth  scraper  is  being  loaded. 

From  this  it  would  seem  that  for  a  260  ft.  lead,  4  scrapers 
should  be  used  instead  of  5.  This  would  have  meant'  that  the  ex- 
penses of  the  gang  would  have  been  reduced  $4.75  and  each  scraper 
worked  would  have  moved  a  greater  yardage.  Theoretically  the 
time  wasted  in  waiting  to  be  loaded  would  have  allowed  of  30 
additional  trips  of  a  scraper  during  the  day,  which  , would  have 
m^eant  an  increase  of  10  cu.  yd.  per  day  per  scraper.  The  in- 
crease might  have  been  a  little  more,  as  the  5  scrapers  set  a 
lazy  pace,  while  the  4  scrapers  coming  to  the  snatch  team  reg- 
ularly would  have  been  the  cue  for  the  whole  gang  to  have 
worked  with  greater  snap  and  vim.  This  increased  yardage 
would  have  meant  that  the  gang  would  have  averaged  176  cu. 
yd.  per  day,  thus  decreasing  all  the  cost  items  somewhat. 

The  time  lost  waiting  to  be  loaded  in  using  5  scrapers  on  a 
300  ft.  lead,  where  the  liaul  amounted  to  725  ft.,  is  not  as  much 
as  on  the  260  ft.  lead,  the  lost  time  being  but  %  of  a  min.  The 
cut  or  excavation,  instead  of  being  worked  as  a  single  piece  of 
work  with  a  lead  of  300  ft.  and  a  haul  of  725,  should  be  divided 
into  two  pieces  of  work,  so-  that  one  piece  would  have  an  in- 
creased haul  over  the  725  ft.  and  suited  for  a  run  of  5  scrapers, 
while  the  other  piece  would  have  a  decreased  haul,  one  suited  to 
4  scrapers.  In  this  manner,  the  scrapers  employed  could  be 
worked  all  the  time,  and  the  maximum  output  obtained  and  the 
"  hauls  equalized,"  as  the  contractors  express  it. 

From  example  No.  3  it  would  seem  that  6  scrapers  were  about 
the-  correct  number  for  a  1,000  ft.  haul,  but  in  example  No.  4  the 
snatch  team  had  to  wait  on  the  scrapers.  This  was  likewise 
the  case  with  examples  Nos.  5  and  6.  In  example  No.  7  too 
many  scrapers  were  worked  in  the  gang,  and  the  contrast  between 
the  number  used  with  an  800  ft.  and  900  ft.  lead  is  very  striking. 

Again  in  examples  Nos.  8  and  9  not  enough  scrapers  were  used. 

It  will  be  noticed  that  for  the  shorter  hauls  the  increased  cost 
due  to  adding  100  ft.  to  the  lead,  with  wages  as  paid  for  this 
work,  is  about  1  ct.  per  cu.  yd.  When  the  leads  are  longer 
than  500  or  600  ft.  the  costs  increased  much  more  than  1  ct. 
The  ordinary  price  paid,  for  overhaul  in  many  sections  of  the 
country  in  the  past  has  been  1  et.  per  cu.  yd.  for  each  100  ft. 
of  overhaul.  For  short  free  haul  with  low  wages  there  may  be, 
at  times,  a  small  profit  at  this  price,  but  under  most  circum- 
stances 1  ct.  per  cu.  ^d.  per  100  ft.  will  hardly, cover. the  cost  of 
wheel  scraper  overhaul,  especially  if  the  free  haul  is   1,000  ft. 
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Contractors  should  give  this  matter  some  study  and  see  to  it 
that  their,  bids'  are  such  as  net  them  a  profit  on,  each  item.  The 
writer  Itnew  of  a  contractor  wlio  bid  an  overhaul  price  of  2^ 
ct.,  with  a  free  haul  of  1,500  ft.,  and  even  at  this  price  there  was 
no  profitMn  the  overhaul  during  the  winter  months. 

The  cost  per  cubic  yard  for  plo>ving  in  Table  2  is  high,  when  one 
takes  into  consideration  that,  at  the- wages  paid,  earth  sho'uld  be 
loosened,  for  about  3  ct.,  but  this  high  cost  is  caused  by  the  fact 
that  the  plsw  tgapi  was  kept  in  the  cut  during  the  whole  day, 
whether  it  was  working  or  not.  According  to  the  nine  examples, 
the  plow  loosened  on  an  average  160  cu.  yd.  per  day.  A  4-horse 
plow  can  easily  loosen  from  300  to  400  cu.  yd.  per  day,  say  350 
cu.  yd.  This  would  mean  considerably  less  than  3  ct.  per  cu. 
yd.-  This  shows  the  necessity  of  working  two  scraper  gangs, 
wherever  possible,  close  enough  together  so  that  one  plow  team 
can  serve  the  two  gangs. 

Two  men  were  used ,  to  load  the  scrapers!  .  For  a  small  wheel 
scraper,  one  man  is  sufficient,  and  it  is  possible  for  one  man  to 
Joad  a  No.  2^  or  No..  3  wheeler,  but  2  men  will  do  the  work 
more  efficiently,  and  they  af  p  needed  when  a  4-horse  snatch  team 
is  used.  Under  most  circutiistances  a  4-horse  snatch  team  will 
do  mbre  economical  work  than  a  3-horse  snatch  team. 

In  the  examples  here  given  two  men  were  used  to  dump  the 
scrapers.  This  is  not  necessary,  as  one.  man  can  easily  learn  to 
dump  even  the  large  size  wheelers  without  aid,  and  the  only 
reason  two  men  were  used  was  on  account  of  the  labor  market. 
Men  were  difficult  to  obtain,  and  to  detail  only  one  man  to  a 
dump  meant  a  strike  among  the  laborers.  If  only  one  man  had 
been  used  the  cost  of  dumping  given  would  have  been  cut  in  half. 

It  will  be  noticed  that  the  cost  of  the  items  of  the  work,  other 
than  the  actual  scraper  cost,  amount  to  from  30  to  60%  of  the 
total  cost,  thus  showing  that  the  scraper  must  m<^e  from  50  to 
100%  more  earth  than  needed  to  show  a  profit  on  each  scraper's 
work.  Only  the  best , horses  or  mules  should  be  employed,  and 
good  care  must  be  taken  of  them,  or  else  they  will  soon  grow  stale 
in  their  work,  and  the  output  will  rapidly  decrease. 

Economic  Handling  of  Earth  by  Wheel  and  Fresno  Scrapers. 
Richard  T.  Dana  in  Engineering  and  Contracting,  June  3,  1914, 
discusses  this  matter  at  great  length. 

It  has  been  the  experience  of  the  writer  that  a  majority  of 
contractors  east  of  the  Alleghenies  are  unfamiliar  with  the  rela- 
tive advantages  oi  the  different  kinds  of  scraper  and  do  not  pos- 
sess the  data  necessary  to  determine  for  the  particular  condi- 
tions of  their  work  which  style  and  size  should  be  most  eco- 
nomic,    A  contractor  who  has  found  wheel  scrapers  very  success- 
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ful  in  a  certain  kind  of  earth  is  likely  to  be  biased  in  favor  of 
the  wheel  scraper  for  that  kind  of  earth  more  or  less  regardless 
of  the  length  of  haul.  Errors  of  judgment  in  a  matter  of  this 
kind  result  in  literally  burying  forf  all  time  money  that  ought  to 
bring  some  benefit  to  somebody.     '  "; 

A  careful  stuily  and  analysis  of  scraper  work  was  made  under 
the  direction  of :  the  writer  by  A.  C.  Haskell  for  the  Construction 
Service  Co.  of  New  York,  and  the  results  are  given^.  below  to 
enable  those  who  have  scraper  work  to  make  rapidly^  and  con- 
veniently those  computations  without  which  no  work  of  this 
kind  can  ecDnomically  be  done.     J  : 
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Fig.  13.     Curves  Showing  Costs  per  Cubic  Yard  of  "Handling 
Loam  and  Loam  Clay  with  Wheel  Scrapers  for  Various  Sizes  of 
.  Load  and  Length  of  Haul. 


The  results  of  this  analysis  are  summarized  in  Figs.  13  to  15. 

When  Fresno  scrapers  are  loaded  from  plowed  ground  it  ia 
easier  to  load  When  dragging  across  than  lengthwise  of  the  fur- 
row. Double  plowing  is  often  economical.  The  dumping  opera- 
tion should  be  accompjiahed  by /a  quick,  sharp  lift  on  the  handle, 
and  I  preferably  ion  a  down  grade.  When  the  ground  is  very  well 
loosened  the  driivet.can  do  his  own  loading  as  well  as  dumping. 
The  path  to  the  dump  must  be  reasonably  free  from  obstructions, 
else  the  scrapers  may  dump  themselves  without  intention  on  the 
driver's  part. 
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General  Hints  on  all  Scraper  Work.  ^  ^1)  Be  sure  to  use  the 
righf  kind  of  scraper.  A  Fresno  with  3  mules  is  economical 
up  to  about  275  ft.  of  haul  as  against  wheel  scrapers  yviih  2 
mules,  wlien  it  can  load  readily.  Where  the  ground  is  full  of 
roots  use  wheelers. 

To  drivers:  ,„■ 

(2)   Report  any  case  of  bad  fitting  harness  to  the  foreman  im- 
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Fig.  14.  Curves  Showing  Cost  per  cu.  yd.  of  Handling  Loam, 
Sand,  etc.,  with  Fresno  Scrapers  for  ,yq,rioua  Sizes  of  Load 
and  Length  of  Haul.  ,  :  ,     , 


mediately.     Don't  let  the  team  drag  you  by  .the,  rpina.     You  are 
supposed  to  be  able  to  walk  as  far  as  a  loaded  team. 
To  foreman:  '  ^      i       ;    ,    ..    ,  ,  , 

Make  a  piersonal  detailed  inspection  of  each  ,naule'9v harness  the 
first  thing  in  the  morning  and  at  noon,  and;  report  any  case  of 
ill 'fitting  harness  to  the  timekeeper  on  ihiajnext  round./  Fore- 
men will  be  held  responsible  for  allowing  any:  mule^  to  work  with 
badly  fitting  harness. 
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(3)  See  that  each  scraper  is  fully  loaded.  The  cost  of  plow- 
ing is  less  than.l  ct.  per  cu.  yd.,  which  is  less  than  the  cost  of 
letting  scrapers  work  when  only  partly*  loaded. 

(4)'  In  loading  the  scraper  when  it  is  once  full  of  earth  do  not 
let  the  mules  try  to  p.,11  it  any  farther  and  overload  it.  Tfee, 
last  two  seconds  of  drag  against  the  dead  weight  of  earth  are 
mule  killers.     '      "i       ■.!   ;  >     ."!.!.      y  ■■ 

(5)  On  all  scraper  work  drivers  are  required  to  walk  at  all 
times  when  the  scraper  is  loaided  and  they  are  to  walk  at  all 
times  with  the  Fresno  scraper,  whether  loaded  or  emptj.    With 


iOO         400  SOO         600 

l.pngfp  of  Haul  in  Feet 


Fig.  15.    Diagram  Comparing  Economy  Up  to  275  Ft.  Haul  of 
Fresno  and  Wheel  Scrapers. 


wheeler  scraper  wcirk  drivers  should  ride  on  the  scraper  when  it 
is  empty.  In  stepping  on  or  off  of  the  scraper  be  sure  not  to 
delay  the  team  in  any  way. 

(6)  In  dumping  wheel  scrapers  try  not  to  dump  when  the 
mules  are  on  ground  that  is  lower  than  the  scraper,  as  by  doing 
this  it  brings  a  tremendous  load  on  the  mules'  necks.. 

(7)  So  direct  the  work  that  the  loaded  teams  will  have  the 
shortest  haul  arid  the  empty  teams  if  necessary  may  have  a 
much  longer  haul,  but  in  no  case  should  the  empty  haul  be  un- 
necessarily long. '  It  is  better  to  let  the  mule  team  stand  still 
to   rest   than   to   let   it   cover   unnecessary   ground.     This   seems 
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like   a   simple   rule,    but    its   violation   has   often   been   observed 
on  several  different  jobs. 

(8)  See  that  the  scrapers  are  spaced  as  even  a  distance  apart 
as  possible.  This  will  make  the  work  lighter  on  the  mules,  easier 
on  the  drivers  and  will  tend  to  avoid  confusion. 

(9)  The  loaded  scraper  should  always  have  the  right  of  way 
as  against  the  unloaded-  scraper. 

(10)  Whenever  a  scraper  gets  stuck  or  is  in  any  trouble 
don't  lose  any  time  before  notifying  the  foreman  and  sending  for 
help.  The  snatch  team  is  employed  for  the  purpose  of  helping 
the.  scrapers  at  all  times  and  in  all  possible  ways. 

(11)  Be  sure  not  to  have  too  few  scrapers  on  a  long  haul  and 
too  many  scrapers  on  a  short  haul;;  see  that  every  scraper  is 
buSy  all  the ''  time ;  see  that  the  loader  and  snatch  teams  are 
busy  all  the  time;  in  short,  that  each  unit  of  the  work  is  con- 
tributing its  maximum  effort  to  the:  accomplishment  of  the 
whole. 

Costly  Wheel  Scraper  Work  in  a  Wet  Cut.  Engineering  and 
Contracting,  Sept.  30,  1908,  gives  the  following: 

The  record  of  cost  of  making  a  railroad  cut  with  wheel  scrapers, 
given  below,  demonstrates  how  a  lesson  can  be  learned  from  cost 
keeping.       .       > 

Thejnaterial  in  the  cut  was  a  red, clay  with  springs  of  water 
occurring  in  it.  This,  with  the  fact  that  the  clay  quickly  absorbed 
the  rain- water  and  held  it,;  made,  the  cut  a  wet  one.  Wheel 
scrapers  were  lused  and  a  3-horse  snatch  team  for  loading  them. 
A  4-horse  plow  team  loosened  the  dirt.  The  following  wages  were 
paid  for  a  10-hr.,  day: 

Fojremaxi f,"\ ,"••- $3.00 

y      Scraper  team  and  driver   U.-.;.'Jr..V'.l.;... ....;.  4,75 

II      4-hoTse  plow  team  and  2  men  ,.,;,,f. ..,.,., ,...  9.20 

3-horse  snatch  team  and  1  man 6.00 

Loaders    ■'■'■■: .';.';. .'.'.;... :.;... 160 

Dumpmen  '  ^ '. .-. --v* 1:^" 

Water    boy    ..•• l-"" 

Two  men  loaded  the  No.  2^  scrapers,  and  one  man  dumpied 
them.  The  lead  was  700  ft.,  while  the  total' distance  traveled 
to  and  from  "the  dtimp  averaged  1,650  ft. 

The  cost  of  the  *ork  per  cu.  yd.  was  as  follows: 


l,l;'-i    &?'^*?"'' 


Foreman .-' ^-^ 

Scrapers ■ •••,•;•:■■■  «|»" 

PWwiiig     •■ ,  "-^S" 

Snatching   ...v.... 0.1^7 

Loading,   - 0-"»| 

Water  boy ""^^ 

Total  per  cu.  yd:  '.'.. IflOlO 
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'The  average  number  of  cu.  yd.  moved  per  day  per  scraper  was 
9.5,  and  as  10  scrapers  were  used  on  the  haul,  the  gang  moved 
a  total  yardage  per  day  of  95  cu.  yd.  This  gives  the  amount 
loosened  by  the  plow.  The  average'  number  of  yards  moved  per 
team  worked  in  a  day  was  only  5.5.  Each  scraper  team  traveled 
about  9  miles  per  day;-  ' 

A  comparison  of  these  with  costs  previously  given  shows  at; 
once  that  they  are  excessive.  The  scraper  team  traveled  only  9 
miles  per  day.  This  was  caused  by  the  wet  condition  of  the  cut,- 
and  ten  scrapers  each  going;  through  it  2S  or  29  times  a  day 
meant  cutting  up  the  wet  clay  still  more.  Some  other  method 
of '  excavating  the  earth  should  Jiave  been  used. 

Doubletrees  for  Heavy  Slip  and  Fresno  Scraper  Work.  R.  E. 
Post,  in  Engineering  and  Contracting,  Mar.  6,  1912,  gives  the 
following :  1 

In  moving  dirt  with  slips  or  fresnos  and  the  accompanying 
work  of  pulling  roots,  dragging  large  rocks,  etc.,  one  of  the  most 
annoying  delays  ^is  caused  by  the  use  of  weak  or  clumsy  double- 
tree setSi 

One  of  the  worst  details  is  the  singletree  hook  which  pulls 
from  the  back  of  the  singletree  and  which,  whenever  the  double- 
trees are  used  off  of  a  tongue,  cause  the  singletree  to  turn  half 
oVer."  Usually  at  the  first  hard  pull  the  cast  eye  of  the  single- 
tree ferrule  breaks,  or  the  center  clip  spreads.  Then  there  is 
the  device  and  bolt  method  of  fastening  the  doubletree  set  to 
the  slip.  This  is  a  good  rig  (although  necessitating  heavy 
doubletrees),  so  long  as  the  team  is  on  a  slip,  but  when  needed 
elsewhere  some  time  is  wasted  unfastening  and  •  fastening  the 
device.  Moreover,  the  device  is  a  poor  device  to  which  to 
fasten  a  chain  or  rope  quickly  and  when  a  doubletre0  sfet  is  not 
in  v.se  someone  usually  takes  the  device  and  forgets  to  return 
it.  The  above  annoyances  are  likejy  to , occur  many  times  a  day 
where  such  doubletree  sets  are  used  and  they  provoke  foremen 
and  teamsters  as  well  as  cause  considerable  delay. 

The, factory- made, doubletree,  sets  sold  under  the  name  of  lead 
bars,  arfl  lights  and,  handy,  but  will  not,  stand  use  on  a  plow, 
stump  pulling,  or  other  j  heavy  work  without  much  breakage. 
Further  the  center  clip,  fastening  the  hook  to  the  dovihletree, 
soon  becomes  loose  and  pulls  to  one  end.^  Home-made  double- 
tree sets  made  of  the  best  woods  with  factory-made  center  clips, 
end  straps,  and  hooks,  are  a  great  improvement  over  the  lead 
bars,  but  the  largest  oVal  woods  obtainable  for  the  doubletrees 
will  not  stand  all  kinds  of  work  without  considerable  breakage 
and  the  center  step  fastening  the  hook  to  the  doubletree  behaves 
the  same  as  in  the  factory-ms^de  lead  bars. 
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Fig,  16  shows  a  set  of  doubletrees  that  will  stand  the  jerks  Of 
the  heaviest  teams,  that  is  not  too  heavy,  that  iS  reasonable  in 
cost,  and  that  will  not  ordinarily  be  in  the .  repair  shop  until 
worn  out.  The  doubletree  center  clip  in  particular  is  a  trouble 
saver,  as  whenever  the  wood  shrinks  and  the  clip  becomes  loose 
it  can  be  readily  tightened  with  the  bolt.     Another  advantage 


'3d  ••-••——••♦* 

3'  i 

■'  4.5teel  Hook  : 


TwLinH 


Section  of  Doubletree CliplHooH 
jFig.   16.     Detail  Drawing  for  Slip  Doubletrees. 


is  in  being  able  to  replace  a  broken  hook  withoiit  a  weM.  In 
case  considerable  work  involving  pulling  on  a  chain  is  ,tq  be  done 
a  .special  grab. t  hook  may  easily  be  inserted  or,  better  yet,  one 
or  two  sets  can  be  rigged  with  grab  hooks  and  kept  for  this 
work. 

The  following  is  the  itemized  cost  of  one  of  these  doubletree 
sets: 

4_ft.  1-in.  half  round  iron   '.'....'..... .  (0.135 

7  ft.  %-m.  half  round  iron  0.130 

.1  3%  x36  in.  wood   i.-. ;.-.,, v 0.420 

2  2%x36  in.  wood   .;= 0.400 

1  ft.  %-in.  tool  steel ;._ 0.110 

4  singletree   hooks ,.....;... 0.160 

16int-%xl%  in.  iron ...'. 0.085 

2  center  clips    ;......:....... 0.240 

12  rivets     0:050 

1  bolt  %x2  ins,  -. 0.015 

2%  hr.  labor  at  45  ct. : 1.125 

Total 12.870 

Methods  of  Arranging:  Doubletrees  and  Three-Horse  Even^rs.^ 
■  Engineering  and  Contracting,  ,l\mQ  12,  1912,  gives  the  following: 

In  making  three-horse  eveners  little  difficulty  iwill  be  experi- 
"eneefd  if  '■  consideration  is  taken  of;  the  fact  that  the  amount  of 
work  each  horse  does  is  in  proportion  to  the  lever  arm  or  the 
portion  of  the  doubletree  'given;  to  hdm.  In  the  case ,  of  three 
horses  the  third  horse,  or  the  one  which  works  singly,  shojild  be 
given  a  leverage  to  make  its  pull  equal  to  that  of  the  othej;,two. 


308  HANDBOOK  OP  EARTH  EXCAVATIOlsr 

The  length  of  the  evener,  and  also  tlie  lengths  pf.  the  single- 
trees, will  depend  upon  the  size  of  the  hwsea  and,  s^lsq  whether 
it  is  desired  to  work  them  close  together  or  somewhat  spread 
apart.  For  summer;  work  tjie  horses  will  st?.nd  tlie  heat  better 
if  given  plenty  of  room. 

In,  Pig.  17  ,is!  shown  a  common  thr^^-horse  evenei;.,  arranged  for 
horses  of  about  equal  weight  and  strength.     The  distances  shown 


. —  3g ^..../j—. 


Fig.  17.     Common  Three-Horse  Evener. 

are  recommended  for  horses  of  medium  size  and  should  be  in-' 
creased  proportionately  for  large  teams. 

Sometimes  it  is  necessary  in  working  young  animals  or  light 
horses  to  give  them  plenty  of  advanta.ge  by  increasing  the  length 
of  the  lever  arm.  This  must  be  done  by  trial,  as  no  rule  will  do 
for  all  cases.  The  most  satisfactory  way  is  to  bore  a  number  of 
holes  and  shift  the  clevis  until  the  small  horse  is  able  to  carry 
the  load  the  entire  day  withbut  becoming  more  fatigu'ed  than 
the  other  horses.  It  is  believed  by  some  men  that  the  amount 
of  lever  arm  or  advantages  given  to  the  smaller  horse  should 
be  in  proportion  to  the  weight  of  the  animal,  but  this  is  not  al- 
ways satisfactory  beca-  se  it  is  also  necessary  to  take  into  account 
the  physical  condition  of  the  horses.  A  type  of  evener  which  per- 
mits an  unusually  close,  hitch  is  sho^iyn  by  Fig.   18.     These  two 


'- a J 

Fig.   18.     Evener  for   Close  Hitching. 

eveners  are   recommended   in  the   Bulletin  of   the   International 
Harvester  Co.  -. 

Effect  of  Bonus  System  on  Cost  of  Basement  Excavation.    En- . 
gineering  and  Contracting,  Jnly  22,  1914,  gives  the  following: 

It  is  unqilestionably  true  that  most  workmen:  will  put  forth 
extra  effort  when  they  are  certain  of  receiving  monetary  return 
for  extra  performance.  The  following  data, show  Uie  results  of  a 
bonus  system  as  applied  by  the  Aberthaw  Construction  Co.,  of 
Boston,  to  excavation  work.     The  work  consisted  of  excavating  the 
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site  of  a  reinforced  concrete  building  in  New  Haven,  Conn.  The 
building  was  62  ft.  wide  by  400  ft  long,  the  basement  floor 
being  about  10  ft.  below  the  natural  grade.  The  work  was  donje 
in  mid- winter.  As  the  excavated  material  was  to  be  used  in 
bringing  up  to  grade  the  depressions  in  other  parts  of  the  lot, 
the  contractors  decided  to  use  wheel  scrapers.  In  addition  to 
the  excavated  earth,  quantities  of  sand  were  taken  out  and  placed 
in  storage  piles  for  use  later  in  concrete.  The  loam  and  top  soil' 
were  first  removed  by  means  of  plows  and  frost  wedges. 

A  study  of  the 'length  of  haiil  and  of  the  number  of  ipheel 
scraper  loads  per  day  showed  that  on  the  average  120  loads  con- 
stituted a  full  day's  work,  although  >  for  the  longer  Ji^auls  only 
about  no  loads  per  day  were  made.  The  teamsters,  when  going 
aboiit  their  work  in' the  usual  leisurely  way  and  with  no  incentive 
for  high  performance,  at  best  were  . hauling  only  120  tovlSP 
loads  per  day.  The  application  of  the  bonus  system  changed  the 
entire  tone  of  the  work  j  from  half-hearted  endeavor  to  enthu- 
siastic effort.      •    '■  '  .  .!,:,.■•■  :\      ,    ,• 

In  starting  paymeiii  for  extra  work  each  driver  who  had ,  ifiade 
120  loads  or  more  during  the  day  was  given  a  bonus  of  50  ct. 
This  bonus  was  later  inci-eased  to  $1  for  each  man  who  made  150 
loads  during  the  day  —  a  mark  which  several  reached.  It  was 
expressly  stipulated  that  the  horses  should  not  be  mistreated  and 
that  loads  which  were  not  full  would  not  be  credited  on  the'  tally 
"board.  While  these  instructhmB- were  well  followedy- it- is-^ prob- 
able that  the  horses  were  worked  to  their  limit. 

The  curves  of  Fig  19  show  the  variation'  in  quantity  of  excava- 
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Fig.  19.  Curves  Showing  Variation  in  Quantity  of  Excavation, 
Bonus  Paid,  and  IJnit  Cost  for  Basement  Excavation  in  New 
Haven,  Conn!  '  '    ' '  '    '       ■  •    •        ' 
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tidii,  amount  of  bonus  paid,  and;  cost  per  cubic  yard  for  excavation. 
No  attempt  has  been  made  to  give  actual  values  as  comparative 
values  only  were  desired.  "By  referring  to  these  curves  it  ,is  seen 
thak  Hie  cost  per  cubic  yard  of  excavation  was  lowest  when 
the  quantity  of  excavation  and  conseqiuently;  the  amount  of 
bonus  were  highest.  It  will  be  noted  that  increase  or  decrease 
in  cost'  per  cubic  yard  -of  excavation  is  in  inverse  ratio  to  the  in- 
crease 'or  decrease  'of  quantity  of  excavation  and  bonus  paid, 
throughout  the  length  of  the  curves.  The  decrease  in  cost  from 
about  35  ot.  per  cu.  yd.  at  the  time  the  bonus  was  first  applied  to 
25  ct.  per  cu.  yd.  and  under  for  the  peak  of  the  excavation  curve 
involved  a  saving  of  more  thail  $60  per  day  during  the  period. of 
maximum  excavation. 

Keeping  Cost  of  Scraper  Work  so  as  to  Show  the  Daily,  Unit 
Cost  for  Each  Gang  is  described  by  W.  A.  Gillette  in  Engineering 
and  Contracting,  July  24,  1912:  ,,  ,,. 

The  value  of  daily  cost  records  is  widely  recognized  but  unless 
'^arth  is  handled  in  wagons  or  cars  the  difficulty  of >. estimating 
quantities  is  such  that  daily  records  are  seldom  kept. 

FRESNO  EXCAVATION 
DAILY  REPORT 
Date 


Job  No Gang  No. 

Foreman    -.■ 


Occupation  No.      '    Rate  Amt. 

Subforemin    1  $3.10  ?  3.10 

Fresncstocfc  4-up  36  1.00'  36.00 

Fresno  drivers    .' 9  2.00  18.00 

Fresno  loaders    2  2.00  4.00 

Fresno    dumpers    2  2.00 "  4.00 

Elo\f  stock  6-up 6  1.00  6.00 

Plow  stock      up   ....  

Plow  stock      up ..  

Pile    drivers    1  2.25  2.25 

Plow  l^olders   ..;      1  2.00  2.00 

Laborers     1  2.00  2.00 

%   overhead  cost  29   14.40 

'  'Men.    ; 17  ....  $91.75 

Totals Stock     42 

Sta.  under  construction 

Sta. '  completed : ; 

Cu.  yd.  moved,  280.  Cost,  32.7  ct.  cu.  yd. 

Length  of  haul    : 300  ft. 

Kind  of'dirt Sand  and  gravel 

Remarks     . . . ; : ' ' 


Timekeeper. 
Fig.  20.     Timekeeper's  Report  Form  for  Fresno  Excavation., 
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Mr.  Gillette's  ihethod  of  keeping  cost  consisted  in  having  the 
timekeeper  count  the  loads  hauled  by  every  gang  during  at  least 
two  20-min.  periods,-  one  in  the  forenoon  and  one  in  the  after- 
noon.    The  timekeeper  is  provided  with  a  saddle  horse. 

The  timekeeper  was  given  a  statement  of  the  estimated  size 
of  load  of  each  kind  of  scraper  and  wagon.  Thus,  a  No.  2^ 
wheeler  was  estimated  to  hold  %'  cu.  yd.,  measured  in  place.  A 
"three-up"  dump  wagon  was  estimated  to  average  1%  cu.  yd, 

GEADEE  EXCAVATION  .'    : 

DAILY  EEPOR't'  ' 

Date    

Job  No Gang  No 

Foreman    ..;..-.. 


Occupation  No.         Kate  Aint. 

Sub-foreman    

Excavator  stock  16-up   16 

Lead  drivers   1 

Push  drivers   -  1 

Machine   men    -  1' 

Elevator   men    1 

Wagon  stoclc  3-up  15 

Dump  men   ;.\ 1 

%  overhead  cost  18  


$1.00 

.   $16.00 

3.00 

3.00 

2.50 

2.50 

4.00 

4.00 

2.50 

2.B0 

1.00 

15.00 

2.50      ' 

2.B0 

8.70 

Men    5  ....  $59.20 

Totals..... .Stock     31  

~^ta.^ 'under  construction  r.~7.'.'.  .\ ..; :T. 

Sta.  completed '.... . 

Cu.  yd.  moved,  595.  Cost,  10  ct.  cu.  yd.  ' 

~    Length  of  haul    , 300  ft. 

Kind  of  dirt. Sand  add  gravel 

Remarks '..- ..•'-. 


Timekeeper. 
Eig.  21.     Timekeeper's  Report  Form  for  Grader  Excavation. , 

Fresnos  were  estimated  at  different  capacities,  according  as  the 
pull   was  uphill,   or   downhill,    or   level;    and  in   some   cases -..it 
might  be  desirable  to  vary  the  estimate,  according  as  the-  haul . 
is  short  or  long.  ,  ! 

The  first  month  this  plan  was  tried  about  7fl,000  eu..  yd.  were 
moved  and  the  timekeeper's  estimates  came  out  only  5%  in  excess 
of i  the  engineer.  The  second  month,  for  an  equal  amount  /of 
work,  he  was  nearly  5%  too  low,  so  that  ,for  a  period  of  two 
months  the  engineer's  estimates  were  checked  almost  exactly. 

By  following  this  plan  it  was  soon  discovered  that  wheeler 
work  was  costing  more  than  fresno  work.  ;  Also  that  for,  hauls 
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of  more  than  150  ft.  the  cheapest  method  was  to  load  wagons.with 
fresnos  through  a  trap. 

This  plan  of  intermittently  timing  each  grading  gang  "has  the 
great  merit  of  enabling  the  contractor  to  ascertain  approximate^))! 
his  unit  cost  ©very  day  for  every  gang.  .;i  j 

'-  "■'  '       i-    '      ^     .  ■     ."  ■  . ,.[   j,) 

.    .'    !-  ■  TSAP  EXiDAVATION  '  .  vf.7 

'   ■^■'    t';f    '-^r-iv.  DAILY  REPORT  ■     i" 


Date    . . .  .> 

Job  No Gang  No. 

Foreman    ...:... . 


Occu{)ation                                No.  Rate  Amt.. , 

Sub'iforeman   ; 1  $2.50  V  $2.50 

Fresno  stock. 4-up  20  1.00  20.00 

-  #resnb--drivers  - -. 5.     -     2.00-  10.00 

Fresno  loaders' 2  2.00  4.00 

Fresno   dampers    1  2.00  2.00 

Wagon  stock,  $-up    15  1.00  15.00 

Wagon    drivers    5  2.00  10.00, 

Plow  stock  2-up   2  I.OO  2.00 

Plow  stock , ,   up   ,       

Trap    men    '  .- 

Dump  men 1  2.50  2.50 

Plow  drivers    1  2.25     ,  2.25 

Plow  holders  / '  '     

%  overhead  cost  25  . . . ." ....  12.45 


Men 16  ....  $82.70 

Totals, ._..... Stock     ._„_,....,.  ,37.  ;  _'     .... 

Sta.  under  construction 

Sta..  completed    

Cu.  yd.  moved    730.  Cost,  11.3  ct.  cu.  yd. 

Length   of  haul 300  ft. 

Kind  of  dirt ,. Sand  and  gravel 

R^emarks 


Timekeeper. 

Fig.  22.     Timekeeper's  feeport  Form  for  Wagons  Loaded  by 
Fresnos  Through  a  Trap. 

'A  Four- Wheel  Scraper  of  Large  Capacity.  Engineering  News, 
Oct.  21,  1915,  gives  thte  following: 

Recently  a  four-wheeled  scraper  of  1  cu.  yd.  capacityhas  been 
introduced,  and  has  been  used  with  success  in  a  numbeif  of  con- 
struction works.     (See  Figs.  26  and  27.)  ' 

''A  steel  frame  is  carried  by  two  axles,  having  30-in.  front 
wheels  and  48-in.  rear  wheels,  and  its  forward  end  is  arched' so 
as  to  clear  the  wheeld  and  allow  the  machine  to  make  a  very  short 
tijrn.  The  steel  scraper  bucket  is  46  m.  long,  45  in.  wide  and  25 
in.  deep,  with  a  nominal  capacity  of   1   yd.,  but  heavier  loads 
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have  been  excavated  and  hauled.,  The  rear  end  of  the  buckeit 
is  suspended  by  short  chains  attached ,  to  the  sills,  of  the  frame 
and  to  the  bottom  corners  of  the  .bucket.  , ,  The  front  end  of  the 
bucket  has  a  bail  pivoted  to  the  bottom  corners,  with  chains 
passing  over  a  shaft  carried  abpve  the  frame.  This  shaft  is 
fitted  with  sprocket  wheels  driven  by  cliains  fropi  the  axle,  a 
clutch  enabling  the  shaft  to  be  throvi'n  in  or  out  of  gear.  .,  The 
driver  sits  at  the  rear,  where  he  has  a  good  view  of  the'  wprk. 

WHEELER  EXCAVATION 
DAILY  REPORT 


Date    

Job  -No Gang  No. 

"Foreman    — ^ 


Occupation  No.  Rate  Amt. 

Sub-foreman     1  |3.10  f  3.J0 

Wheeler  .stock  2-up   20  1.00  20.00 

Wheeler  .drivers' 10  2.00  20.00 

Wheeler  .loaders 4  2.50  10.00 

.Wheeler  dumpers 2,"  2.50  S.OO 

.Snap  teams  3-up   \6  ,  1.00  6.00 

.Snap  drivers   2'  2.50  5.00 

.Plow  stock  4-up 4  1.00  4.00 

.Plow  stock      up    

.Plow  ^tock      up ..  

Plow    drivers    1  2.00  2.00 

Plow  holders 1  2.00  2.00 

%  overhead  cost  28  ;...  ..  13.90 


Men 21  ....  $91.00 

To.tals Stock     30 

.Sta.  under  construction  

— Sta..  completed. 

Cu.  yd.  moved,  378.  Cost,  24  ct.  cii.  yd." 

Length  of  haul    300  ft. 

J^ind  o.f.  dirt Sand  and  gravel 

Remarks J.:. 


J  Timekeeper. 

Fig.  23.     Timekeeper's,  Report  Form  for  Wheeler  Excavation. 

He  handles  the  levers  for  controlling ,  the  movements  of  the 
bucket,  inrloading,  dumping  and  spreading,  and  no  extra  men  are 
required  at  the  scraper  in  loading  or  dumping.         ,     , 

In  loading,  the  forward  end  of  the  bucket  is  lowered  and,  in- 
clined forward,  so  that  its  cutting  edge  ^touches  the  ground.  ,An 
end  gate  at  the  rear  retains  the  material.  When  loaded,  the 
front  end  is  raised  by  the  chains  on  thp  shaft  so  as  to  bring  the 
bucket  to  a  practically  level,  position,  wheni  it  has  plenty  of  clear- 
ance for  hauling.     An  automatic  trip   releases  the  clutch  v/hen 
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the  scraper  Is  in  this  position,  thus  preventing  accidental  over- 
winding of  the  chains  and  dumping  of  the  load.  For  dumping, 
the  chains  are'woiihd  up  still  farther  so  as  to  raise  the  froBt 
end  and  tilt  the  bucket  backwards,  falling  clear  of  the  end  gate. 
The  Ibad  may  he  dumped  in  a  heap  at  one  spot,  or  spread  in  a 
thin  layer,  according  to  the  inclination  given  to  the  bucket.'  The 
operations  are  shown  in  Figs  26  and  27,  which  show  the  loading 
arid  dumping  respectively.     The  front  and   rear   wheels  do  not 

SUMMARY  OF  DAILY  COSTS 

Date 

Job  No 

Foreman 

Area  Cu.  yd.- Cost  Total 

Method  of  Constr.  cov.   moved    per  ~  amt. 

.Fresno  excavation 

Fresno  excavation 

Fresno  excavation  ..-. 

,  ^Heeler  excavation ' 

^heeler  excavation    .... 

.Wheeler  excavation^ 

G-rader ..'. 

Grader    ' .■-     

Grader 

Trap  excavation  ;     

Trap  excavf^tion 

Trip  excavation ...I      .... 

Boilers    

Rollers i 

Oil  wagons    

Oil  wagons    '  

Brushing    ". '   

Totals 

Average  length  of  haul  '. 

Average  cost  per -. : .". 

Average  cost  per  

Remarks     ..:.'. 

Timekeeper. 
Fig.  24.     Form  for  Summary  of  Daily  Cost. 


track.  This  feature  (in  combination  with  wide  tires  and  the 
weight  of  the  machine)  reduces  the  tendency  to  wear  ruts,  and  is 
efficient  in  rolling  and  compacting  the  material,  as  in  embant 
ment  work. 

From  two  to  four  horses  (or  mules)  haul  the  machine,  accord- 
ing to  the  character  of  the  work,  but  in  loading  an  extra  four- 
horse  snap  team  is  generally  used.  Hard  ground  must  be 
plowed  to  enable  the  horses  to  do  efficient  work  in  loading,  but 
this  is  not  necessary  when  traction  engines  are  used,  as  has 'been 
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done  in  several  cases.  Engines  Of  12  to  16  hp.  have  been  used 
for  loading,  and  sometimes  they  are  used  also  for  hauling,  the 
engine  taking  a  train  of  two  to  six  scrapers. 

The  cost  of  loading  is  estimated  to  average  4  ct.  per  cu.  yd.  in 
ordinary  material.  The  cost  of  haiiling  varies  with  the  grade 
and  condition  of  road,  etc.,  and  ranges  from  i^ct.  to  1  ct.  per 
cu.  yd.  for  each  100  ft.  of  haul  up  to  1,000  ft.  Working  in  a  hard 
and  heavy  brick  clay  at  St.  Louis,  a  16-Ep.  traction  engine  was 


Date  . . . . 
Job  No... 
Foreman 


OVERHEAD  COSTS 
DAILY  REPORT 


Occupation  No.         Rate  Amt. 

Superintendents     1 

Timekeepers     1 

Blacksmiths    1 

Blacksmiths'    helpers    2 

Stablemen    1 

Stablemen's    helpers    2 

Water,  boys  ' -    1 

Canip  laborers    . . ... 2 

Camp    .'..'..'    /. 

Camp    

Camp  stock  working  6 

Camp   stock   drivers    2 

Camp  stock   

Stock  idle 1 

Driving  stock   

Riding    stock    2 

Sick  or  idle  men   1 

Sub-foreman    brushing    1 

Men    brushing    '. 5 


J5.75 

$  5.75 

2.75 

2.75 

4.00 

4:00 

2.00 

4.00 

2.40 

2.40 

2.40 

4.80 

1.75 

1.75 

2.00 

4.00 

1.66 

"e'.oo 

2.00 

4.00 

1.00 

1.00 

1.00 

2.00 

2.00 

2.00 

3.00 

3.00 

2.00 

10.00 

Men    20  ....  $49.45 

Totals Stock     9 


Remarks 


Timekeeper. 
f  •■ 
Fig.  25.     Form  for  Summary  for  Overhead  Costs. 

used  for  loading,  and  three  horses  to  each  scraper  for  hauling. 
The  loading  averaged  1%  min.,  or  48  loads  per  Jir.,  with  an  aver- 
age of  29  cu.  ft.  to  each  load.  The  machines  have  been  used  on 
railway  and  reservoir  embankments  in  California;  in  the  latter 
case  the  borrow  pits  were  small  and  scattered,  and  the  haul 
varied  from  200  ft.  to  1,500  ft.  Their  work  on' the  S9utli  Braiich 
Canal  of  the  Klamath  irrigation  project  in  Oregon  (U.  S.  Re- 
clamation Service )  is^  reported  as  follows  by  the  contractor^, 
Wells  Brothers,  of  St.  Louis, 
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"J'rom.  original   surface  of  ground  to   top   of  dyke   averaged 
aboui  14  ft.     fheicapal  was  built  in  the  embankment  and  the 


Fig.  26.     Maney  Pour-Wheeled  Scraper  with  Pan  in  Position  for 

Loading. 


Fjig.  '27.     Maney    Four-Wheeled    Scraper   with    Pan    Baised   for 
'    ■'  Carrying  Load. 


bottom  of  the  finished  canal  was  8  ft.  aboye  the  original  surface 
of  the  ground.  The  entire  embankment  went  up  in  6-in,  lifts,  each 
lift  being  sprinkled.     The  specification's  called  for  each  lift  being 
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rolled  with  a  grooved  roller  weighing  1  ton  per  ft.  of  tread,,  rbut 
the  Government  engineers  and  inspectors  ordered  us  to  take  the 
roller  off,  as  the  wheel-scrapers  answered  to  better  advantage 
owing  to  the  front  wheels  having  a  narrower  tread  than  the  rear 
ones,  and  the  wheels  paeking  the  material  better  than  the  roller 
Would  have  done.  The  Wheels  would. pack  it  in  low  places  where 
the 'roller  would  have  run  over  without  touching. 

"  The  average  haul  was  400  ft.  from  borrow  pit  to  dyke.  After 
18  in.  were  removed  from  the  borrow  pit,  hardpan  was  en^ 
countered  requiring  eight  and  ten  head  to  plow.  This  latter  ma- 
terial was  handled  to  the  depth  of  the  pit,  which  was  5  ft.  This 
material  could  not  have  been  handled  at. all  with  grader  and 
wagons,  nor  with  ordinary  wJieeled-scrapers'  with  profit.  The 
170,000  cu.  Jd.  handled  cost  14  ct.  per  yd.,  including  the  cost  of 
moving  to  and  from  the  work,  which  amounted  to  about  $2,000." 

These  four-wheel  scrapers  have  been  used  in  street  and  road 
work,  for  levees  and  ditches,  railway  embankments,  canal  exca- 
vation, and  miscellaneous  light  and  heavy  grading  and  filling. 
On  one  job  50,000  cu.  yd.  of  loamy  soil  were  removed  from  ridgps 
and  deposited  in  a  pond  of  water.  With  an  average  haul  of  200 
ft.  The  cost;  of  this  work  is  said  to  have  been,  only  10  ct.  per 
cu.  yd.  In  New  York,  the  machines  have  been,  used,  for  remov- 
ing snow,  loading -it  from  the  winrows  formed  by  plows. 

Methods  and  Cost  of  Excavating  a  Canal  with  Four-Wheel 
Scrapers.  Engineering  and  Contracting,  May  31,  1911,  gives  the 
following:       ;;    ,  ,      , 

At  Los  Animas,  Colorado,  an  irrigation  panal,  50  ft.  wide  and 
deep  enough  to  carry,  about  5  ft.  of  water,  is  being  excavated  with 
Maney  four-wheel  scrapers  ,( Figs  26  and  27).  .a?he  canal  fql: 
lows  the  contour  of  a  rather  broad  and. level  basin  and,  the  ma- 
terial is  a  hard  adobe  clay.  The  scrapers  were  at  first  loaded 
with  a  snatch  team  and  later  with  a  traction  engine  and  cable. 
The  latter  method  made  a  reduction  in  the  operating  costs  of 
about  1-  ct.  per  cu.  yd.  The  cost  of  the  team  outfit  was  as 
follows : 

4  MaBey  scrapers  at  $260  ?1,040 

12  aniinalB,  including  4  on  snatch  team  3,000 

Total    HMO 

Cost  of  operation  with  snatch  team: 

12  animils,  feeding  per  day   ^  t'nn 

4  men  on  machines  at  $2  jOU 

1  pit  man   , •■■••        ^.50 

1  dump    man    


1  snap    man 


2.50 
2.50 


Total    •• *24.50 
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With  this" outfit  and  an  average  "lead"  of  250  ft.,  600  loads 
df  1  cu.  yd.  each  were  made  per  day  of  10-hr.,  costing) about  6  ct. 
per  cu.  yd.  ■  - 

The  use  of  the  traction  engine  brought  the  cost  of  the  outfit 
up '  to  $5,040,  but  the  output  was  increased  considerably.  The 
traction  engine  remained  stationary  in  loading  the  scrapers.  ,  A 
horse  was  used  to  drag  the  cable  from  the,  engine:  to  the  farthest 
point  for  loading  the  scrapers  and  the  cable  was  then  wound  in 
on  the  drum  of  the  engine  as  each  scraper  load  was  taken.  The 
cost  of  operation  with  the  engine  in  place  of  the  snatch  team  was 
as  follows:  -         • 

4' men  on  machines  at  $2 $  8:00 

8  animals   (feed  per  team  per  day),  at  $1.50  6.00      - 

1  pit  man   2.50 

1  dump    man    % 2.50 

1  snap  man   2.50 

1  cable  man    '. 2.00 

1  engineer .• 3.00       ' 

r  cWtch   man 2.00 

:     -  Opal    , , 5.00 

,  Haul  of  wafer 2.00 

J     .  r  Total  daily  expense   $35.50 

'  With  this  method  about  1,000  loads  per  10-hr.  day  were 
^vdiraged' on  a  250  ft.  haul,  or  at  a  cost  of  about  5  ct.  per  cu.  yd. 

The  scraper  IrtSeH  differs  from  the  ordinary  scraper  not  only 
in  the  number  of  wheels  but  in  that  the  scoop  is  tilted  backward 
when  unloading:  The  mechanism  can  be  entirely  in  control  of 
the  driver,  who  operates  the  levers  from  his  seat  in  the  rear  of 
the  machine.  By  means  of  these  levers  he  controls  the  sprocket 
chains  that  meah  into'  the  sprocket  wheels  on  the  rear  axle.  The 
movement  of  the  team  therefore  dumps  the  load.  The  capacity  of 
the  scraper  is  31  cu.  ft. 

This  "  self-loading  wagon "  is  made  by  The  Baker  Mfg.  Co., 
506  Stanford  Ave.,  Springfield,  111. 

Cost  with  4-Wheel  Scrapers  on  Road  Work.  Prof.  A.  B. 
McDaniel  in  Engineering  Record,  July  31,  1915,  gives  the  cost  of 
operating  Maney  four-wheel  scrapers  on  road  construction.  ;  In 
several  cases,  with  soils  varying  from  dry  sand  to  hard,  dense 
clay,  it  has  proved  its  adaptability  and  eflSeien-cy.  In  loam  and 
clay  soil,  with  occasional  sand  and  fills  of  ash  and  cinders,  in 
Illinois,  the  cost  of  operation  was  8  ct.  per  cu.  yd  with  an  aver- 
age haul  of  300  ft.  on  nearly  level  ground.  The  width  of  cut 
averaged  20  ft.,  and  the  depth  of  cut  was  from  0  itp  18  iii.,  aver- 
aging 12  in.  Each  scraper  was  hauled  by  a  two-horse  team  and 
assisted  in  loading  by  a  traction  engine.  The  length  of  working 
day  was  10  hr.  The  cost  was  as  follows,  when  each  of  7  scrapers 
averaged'  114  cu.  yd.  per  day: 
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Labor:        ;  - 

2  firemen,    at  13 ,S  6.00,       . 

1  cableman     , '    2.00 

7  teams  and  drivers,  at  $5 '.'.'.'.','.'     BB.dO 

Total  Tabor  per  10-hr.  day $43.00 

1  traction  engine  and  operator J16.00 

General  and  Overhead  Expenses; 

Supervision  and  general  expenses J  3  00 

Interest  on  investment  (7%  of  $1,800) ,    0.62 

Depreciation,  based, ,(»  5-yr.  life  0.88 

Repairs,    estimated'  ,^S, , ,  1,00 

Total  general  and  overhead  expenses $  5.50 

Total  cost  of  work  per  day $64.€0   x 

Total  amount  of  excavation,  800  cu.  yd.  ' 

-,i ;~'      ■     Cost  per  cu.  yd.  excavated   ,,. J  0.08 

Maney  Four-Wheel  Scraper  on  Street  Work.  Municipal  En- 
gneerinff,SeTpt.,  1915^  describes  the  use' of  the  Maney  four-Wheeled 
scraper  as  follows: 

On  a  23,500  sq.  yd.  vitrified  brick  pavement  job  at  Pekin,  111., 
six  Maney  four-wheel  scrapers  were  used  in  the  grading  of  approx- 
imately jl2,000  cu.  yd.  These  scrapers,  were  loaded  by  tractor, 
making  a  roun^  trip  of  1,200  ft.  in  approximately '  14  min.,  or 
forty-three  round  trips  per  lO-li.'  day;  43  cu.  yd.  per  scraper, 
totalling  258  cu.yd.  per  10-hr.  day.  The  force  engaged  in  the 
grading  Work  consisted  of  seventeen  men,  six  of  wliiom,  were 
driving  the  scrapers,  one  funning  the  tractor,  two  trimming,  up 
the  edges  of  the  cut  near  the  scrapers,  three  making  curb  ex- 
cavations ahead  of  the  scrapers  and  five  men  on  the  dump.  The 
dump  is  at  the  edge  of  the  river  bank.  To  reach  it  from  the 
point  at  which  the  scrapers  were' working  it  was  necessary  to  haul 
nearly  two  blocks  over  the  unimproved  street,  then  to  wind 
around  a  temporary  road,  cross  several  railroad  tracks  and  then 
skirt  the  top  of  the  bank  to  the  dump.  It  was  necessary  for 
some  of  the  scrapers  to  go  part  way  down  the  bank  to  dump; 
others  dumped  along  the  top^  and  the  men  on  tTie  dump  trimmed 
the  material  up.  In  returning  to  the  loading  point -the  scrapers 
took  a  slightly  longer  route  to  avoid  interfering  with  the  loaded 
serapeVs  moving  toward  the  dump. 

Engineerimg  and  Coniraoting,  Ju\y  3,  1918,  reports  the  use  of  a 
4-wheeled  scraper  hauled  by  a  small  tractor  on  street  and  side- 
walk grading  near  Dayton,  0.  The  first  use  of  this  method  was 
on  a  short  haul  of  80  or  90  ft.  Only  two  men  were  used  on  this 
part  of  the  work  —  the  tractor  operator  and  the  scraper  operator. 
The  Maney  scraper,  being  self-loading  and  self -dumping  and 
carrying  about  1  cu.  yd.  of  dirt  to  the  load,  was  easily  handled 
in  this  manner.  On  this  work  no  plowing  was  necessary,  a^  the 
direct  power  of  the  tractor  was  used  for  digging,  loading  arid 
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hauling.  A  round  trip  was  usually  made  in  aboutf  2 ;  min.  or  at 
the  rate  q{  about  30  cu.  yd.  an  hr.  The-  dost' of  o.perating  was 
stated  to  be  80  ct.  per '  hr;, '  tnaking  the  cost  per  cu.  yd.  about 

2%  ct.         '  . 


Fig.    28.     The   Aurora   Reversible'  Road   MacVi^ie   Made   by   the 
Austin  Western  Road  Machinery   Co. 


The  tractor  and  Maney  scraper  were  also  .  used  ;  in  thg  same 
manner  for  the  'rough;  excavating  for  sidewa>lks..  The  cutting 
was  made  to  within  an  inch  or  so  of  grade  and  eljinina-ted  con- 
siderable hand  work.  -  t 

Road  Graders.     Some  makes  of  road  grading  machines  are  pro- 


Fig.  29.     Western  Midget  Light  Weight  2-Hbrse  Grader.     Suit- 
able for  Road  Maintenance.     Made'  by  the  Austin  Western  Mfg. 

Co.     .    ■  ;■■■!■ 
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vided  with  attachments  for  shifting  the  frame  baelc  and  forth 
on  the  rear  axle,  so  as  to  adjust  the  blade  to  a  desired  position 
with  reference  to  the  wheel  tracks,  also  with  devices  to  lean  the 
wheels  at  an  angle  and  thus  lessen  the  tendency  of  the  machine 


Fig.  30.     The  20th  Century  Farm  Ditcher. 

to  slide  over  a  bank,  or.  to  cut  the  rear  wheels  at  an  angle  with 
the  frame  in  order  to  overcome  the  tendency  to  slide  when  the 
blade  is  loaded.  Most  of  the  better  makes  of  such  machines  are 
now  constructed  so  the  blade  may  be  reversed  entirely, and  the 
convex   surface   used   for   smoothing   a   road   after   it   has    been 


Fig.   31.     Special   Fender   Attachment  for   Convertilig  Ditcher 
into  a  Bottomless  Scraper. 

graded  approximately  to  the  required  cross-aection.  Machines 
of  this  type  are  made  in  different  sizes  and  weights  and  cost  from 
$175  to  $300  f.  o.  b.  factory  in  1914.  The  heavier  sizes  are  best 
adapted  to  construction  work  and  the  lighter  for  njaiiitenance. 
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A  modified  form  of  grading  machine  consists  of  a  blade  similar 
to  that  of  the  machine  just  described,  which  is  supportedl  by  a 
simple  frame  on  only  two  wheels.  The  2-wheeled  machine  usu- 
ally,  weighs  about  one-fourth  as  mudh  as  the  4^wheel' type  and 
costs  considerably  less. 

A  modification  of  the  road  grader  useful  for  both  grading  and 
ditching  is  made  by  the  Baker  Mfg.  Co.  of  Springfield,  111.  This 
machine,  as  illustrated  in  Fig.  30,  is  provided  with-  ja  moldboard 
6  ft.  long  by  13  in.  wide  with  a  5-in.  detachable  cutting  blade. 
It  weighs  complete  800  lb.  The  machine  may  be,  used  either.iwith 
or  without  the  front  truck.  Attachments  are  made  for  cutting 
sage  brush  and  for  converting  the  ditcher  into  a  bottomless 
scraper.     (See  Fig.  31.) 


Fig.  32.     The  Martin  Ditcher  and  Grader. 


Another  type  of  scraper  ditcher,  made  by  the  Owensboro 
Ditcher  and  Grader  Co.,  Owensboro,  Ky.,  is  illustrated  in  Fig.  32. 

Smoothing  Machines  suitable  for  leveling  and  maintaining 
roads  but  not  for  grading,  are  made  in  various  forms.  Fig.  33 
shows  a  machine  that  will  level,  the  entire  surface  of  a  30-ft.  road. 
It  is  designed  to  be  pulled  by  a  tractor  of  from  15  to  25  hp. 

A  much  simpler  machine  for  the  same  purpose  is  the  twp-blade 
road  drag  weighing  29,0  lb.,  Fig.  34.  Its  two  8-ft.  blades  are  each 
6  in.  wide  and  are  set  3  ft.  apart.  A  similar  3-blade  road  drag 
weighs  370  lb.  and  is  45  in.  wide. 

Gxadiiii"   Methods   and    Costs   on    Earth   Hoad    Constructi'biv. 
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Charles  TI.  Moorefield,  in  Engineering  and  Contracting,  Apr.   18, 
1917,  gives  the  following: 

Where  the  gradfe  and  cross  section  of  the  road  follow  closely 
the  original  ground  surf  ace,  moat  of  the  necessary  gl'ading  usu- 


Fig.  33.     "Unqle  Jim,"i  Self-Operating  Road  Leveler.    Made  by 
'i      the  Baker  Mfgi  Co. 

ally  may  be  done  with  the  grading  machine.  A  4-wheel  machine 
should  fee  :used  with  at  least  six  horses.  The  team  must  be  ac- 
customed to  working'  together  and  must  be  under  complete  control 
of  the  driver. 


Mg.  34..   Prairie  2-Blade  Koad  Drag.     Made  by  Baker  Mfg-  Co. 

;r  Before  any  machine  work  is  done  the  area  to  be^  graded  should 
be  burned  or  mowed  over  so  as  to  remove  all  grass  and  weeds. 
The  grading  should  then  proceed  as  follows; 
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( 1 )  Set  a  row  of,  stakes  100  or  200  ft.  apart  along  the  inside 
edge,  of  each  side  ditch.  The  purpose  of  these  stakes  is  simply 
to  aid  the  driver  in  making  the  initial  furrow  of,  the  machine 
conform  with  the  line  of  the  road,  and  since  the  stakes  are 
destroyed  by  the  first  furrow  they  need  be  only  sufficient  to  serve 
this  temporary  purpose. 

(2)  Set  the  blade  of  the  grading  machine  at  an  angle  of 
about  30  degrees  with  the  road,  so  that  the  material  loosened 
by  the  cutting  point  of  the  blade  will  be  moved  in  toward  the 
center  of  the  road;  also  lower  the  cutting  point  and  raise  the 
heel,  so  that  the  blade  will  plow  an  initial  furrow  about  6  in. 
deep  and  about  18  in.  wide.  Then  make  the  initial  trip  with 
the  point  of  the  blade  cutting  about  18  in.  outside  of  the  stake 
line  and  the  outside  rear  wheel  of  the  machine  against  the  face 
of  the  furrow.  The  material  loosened  by  the  first  furrow  then 
will  escape  under  the  blade  in  a  ridge  just  inside  the  stake 
line. 

(3)  Readjust  the  machine  so  that  "when  the  outside  horses 
follow  the  initial  furrow  in  making  the  second  trip  the  blade 
will  cut  a  new  furrow  of  somewhat  less  width  than  the  first 
and  the  outside  rear  wheel  will  follow  the  face  of  the  new 
furrow.  Then  make  successive  trips  with  the  machine  adjusted 
in  this  way  until  the  outside,  edge  of  the  ditch  is  approached, 
except  that  after  each  two  trips  it  is  well  to  rest  the  team  by 
■residjusting  the  blade  and  pushing .  the  loosened  material  over 
toward  the  center  of  the  road.  For  this  latter  work  the  blade 
may  be  set  at  a  greater  angle  with  the  road,  and  the  heel  should 
be  lowered  and  the  point  raised,  so  that  the  cutting  edge  i  will 
conform  closely  to  the  crown  of  the  road  while  the  machine  is 
in  operation. 

(4)  Repeat  the  above  described  operation,  omitting  the  stakes 
and  beginning  about  18  Jh.  farther  from  the  center  each  time, 
until  the  side  ditches  are  excavated  to  the  required  depth  and 
the  road  is  approximately  to  the  Required  cross  section. 

(5)  Bring  the  outside  faces  of  the  side  ditches  to  a  uniform 
slope  by  making  one  or  two  trips  of  the  machine  with  two 
wheels,  one  front  and  one  rear,'  on  the  bank  and  the  cutting 
edge  of  the  blade  against  the  slope. 

(6)  Make  several  trips  over  the  road,  cleaning  out  the  ditches 
and  smoothing  up  the  surfaces.  The  last  few  trips  should  be 
made  with  the  blade  reversed,  as  this  method  tends  to  produce 
a  better  compacted  surface.  But,  in  any  event,  it  is  necessary 
that  during  the  first  few  months  after  the  grading  is  completed 
the  road  surface  should  be  kept  smooth  while  it  is  being  com- 
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pacted  under  traffic.  To  do  this  may  require  frequent  use  :  of 
the  griiding  machine  or  the  dAg.    ■.  ■ 

The  method  of  operating  a  grading  machine  described  above 
necessarily  will  have  to  be; modified  at  times  in  order  to  meet 
special  conditions.  Where,  for  example,  the  ditch  area  is  cov- 
ered with  heavy  sod  or  contains  a  number  of  large  roots,  it  may 
be  very  desirable  to  plow  this  area  and  cut  the  roots  with  an  ax 
before  using  the  grading  machine.  If  this  is  done  the  plow 
furrows  should  be  turned  toward  the  center  of  thg  rpad  and 
the  line  of  the'  initial  furrows  should  be  controlled  by  two 
rows  of  stakes  as  described  abovej  If  the  sod  is  very  tenacious 
it' should  be  harrowed  with  a  disc  harrow  ahead  of  the  grading 
machine,  and  after  the  material  has  been  moved  over  toward  the, 
center  of  the  road  the  lumps  of  sod  should  be  thrown  out.  A 
method  sometimes  followed  is  to  skim  off  the  sod,  by  means  of 
hand  shovels,  ahead  of  the  grading  machine,  but  this  methpd. 
is  expensive  and  seldom  justified. 

■  Whether  or  not  it  is  necessary  to  contend  with  any  consider- 
able quantity  of  sod,  the  use  of  a  disk  harro^  usually  will  prove 
helpful  in  securing  a  smooth  uniform  road  surface  with  the 
grading  machine.  In  general  it  is  sufficient  to  give  the  loosened 
material  a  thorough  harrowing  after  the  road  has  been  brought 
approximately  to  its  required  shape,  but  before  the  final  shaping 
i»-:done. 

Where  coritinuous  long  stretches  of  road  are  to  be  graded  with 
grading  machines,  it  frequently  is  economical  to  substitute  a 
traction  engine  for  the  teams  and  to  employ  two  machines. 
Where  this  is  done  the  first  machine  is  connected  immediately 
behind  the  tra,ctor,  either  directly  behind  or  to  one  side,  as  the 
co'nditions  require,  and  the  second  machine  is  connected  behind 
and  to  one  side  of  the  first.  Otherwise  the  method  of  operation 
•  is  not  essentially  different  from  that  already  described. 

The  rate  at  which  a  road  can  be  graded  up  with  a  grading 
machine  varies  to  a  great  extent,  and  depends  la,rgely  on  the 
character  of  t\ie  soil.  Where  the  original  cross  section  of  the 
ground  is  approximately  level,  and  the  soil  conditions  not  un- 
favorable, a; grading  machine  drawn  by  six  well-trained  horses 
should  cut  out  the  side  ditches  and  shape  the  road  in  from  20 
to  35  round  trip's.  Allowing  for  a  reasonable  amount  of  lost 
time,  the  rate  aj;  which  the  team  traviels  should  average  ffom 
11^  to  2  miles  per  hour,,  and  under  the  circumstances  assumed 
above,  the  length  of  rpa,d  graded  per  day  should  average  not 
less  than  oncifourth  mile.  Such  favorable  conditions  seldom  are 
found  for  any  considerable  stretch  of  rofld,  except  in  the  prairie 
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section'  of  the  Middle  West,  and  the  average  rate  of  gradi^g, 
with  a  grading  machine  is,  therefftre,  much  less  than  one-fourth 
niile  of  road  per  dayi  -    • 

■Finishing  the  Surface.  No  matter  how  the  grading  of  an  earth 
road  may  be  accomplished,  it  usually  is  economical  to  bring  the 
road  Surface  to  its  final  shape  by  means  of  a  grading  machine. 
In  making  excavations  it  is  not  generally  considered  practical 
to  form  the  crown  and  side  ditches  with  scrapers  or  hand  tools 
alOhe,  and  the  cross  section  is,  therefore,  frequently!  left  approxi- 
mately flat.  The  grading'  machine  is  then  used;  in  the  manner 
already  described,  to  produce  the  required  cross  section. 

Construction  Costs.  In  the  following  statements  and  data  an 
eiffort  is  made  to  show  the  approximate  range  of  cost  rather  than 
the  average. 

The  following  data  (Table  I)  are  intended  to  furnish  a  rough 
guide  in  making  estimates  of  grading  cost  at  a  flat  rate  per 
cubic  yard.  They  are  based  on  labor  at  15  ct.-  per  hr.;  horses 
at  12^  ct.- per  iir.  The  depreciation  of '  grading  equipment  and 
repairs  are  figured  at  B%  per  mo.  while  in  use,  and  it  is  ex- 
pected that  fch'e  force  will  be  organized  economically  and  man- 
aged efficieiitly. 

•^  TABLE*  I  —  GRADING  MACHINE  WOBK 

Assumed  conditions:  Original  cross  section  flat;  team  to  consist'  of  six 
to  eight  well-trained  horses;   no  material  moved  longitudinally. 

Character '  of  soil  Cost  per  mile 

Light  prairie,  free  from  stumps,  roots,  etc 4  60  to  ?  80 

Average   clay   loam 100  to    IBO 

Heavy    clay,'    moderate'   amount    of -sod    and    roots,    plowing 

necessary  throughout.  ..;..-.,.. 200  to    250 

Heavy,  clay,  exceptionally  difficult  conditions From  $250  up 

Crowning    and    sliaping    road    which    has    been    graded    with 

scrapers,  etc. 50  to     75 

I^rof.  A.  B.  McDaniel  in  Engineering  Record,  July  31,  1915, 
states  that  iij  a  case  of  road  construction  in  VanBuren  County, 
Iowa,  a  60-hp.  gasoline  tractor  and  graders  of  so-called  "  recla- 
ma,tio)ri "  type  were  used.  Sixty  miles  of  earth  Foad  was  built 
at,  a  cost  .pf,  $20;  per  mile!  The  road  measured  30  it.  from  cen- 
ter to  center  of  the  side  ditches,  which  had  a  width  of  20  in. 
and  a  depth  of  36  in.  The  earth  was  the  ordinary  loam  and 
clay  of  .^jh^e  prairie  country. 

Tfie  "  reclamation "  type  of  grader  has  pivoted  axles,  so  that 
the  wheels  can  always  be  kept  in  a  vertical  position;  thus  the 
■Wfeight  of  the  machines  is  utilized  to  counteract  the  side  pressure 
of  the  earth  on  the  mold-board,  and  prevents  side  draft.  Where 
a  large  amount  of  road  construction  is  included  in  one  job, 
it  is  econpmical  to  use  a  traction  engine  for  hauling  the  grader. 
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Two  graders  may  be  hauled  by  one  engine,  and  thus.serve  ,tp 
move'  the  earth  from  the  diteh  to  the  center  of ;  the  , road.  4t  one 
trip.  ,, 

,  Tractor  Orading.  Engineering  and  Contracting,  Oct.  4,  1916, 
gives  the  following:  Tractor-grader  outfits  are  being  used  ex- 
tensively in  Utah  on  highway  work.  One  of  the, most  notable 
undertakings  with  these  outfits  was  the  construction  of  approxi- 
mately 100  miles  of  earth  road  in  Box  Elder  County.  This  work 
was  carried  out  in  1914  by  the  State  Road  Commission.  The 
highway  was  constructed  over  a  virgin  soil,  sage  brush  country, 
on  a  new  location  encircling  the  north  end  of  Great'  Salt  La^e. 
It  extends  southwestwardly  from  Snowville  to  intersect  the 
Nevada  line  just  west  of  Lucin  and  forms  part  of  the  Midland 
Trail. 

Two  International  Harvester  Co.'s  Mogul  gasoline,  60-l^p. 
traction  engines  and  two  road  graders  handled  the  work  almost 
exclusively.  .  A  cross  section  24  ft.  wide  from  gutter  to  gutter 


£AC 


Fig.  35.     Cross  Section  of  Midland  Trail,  Box  Elder  County,  Utah. 


with  9-in.  crown  above  the  shoulders  was  adhered  to  almost 
entirely,  the  width  of  the  road  being  increased,  however,  to"'' 30 
ft.  in  width,  through  towns  and  settlements.  The:  cross  section 
mentioned  is  shown  in  detail  in  Fig.  35. 

The  progress  of  the  grader  and  traction  work  on  the  longer 
taji^epts  of  the,  road  amounted  to  an  average  of  1%  miles' per 
10-hr.  day,  the  cost  being  $75  per  day,  or  a'  unit  Cost  of  $60 
per  mile.  The  rec6rd  run  made  on  this  project  for  gra:der  and 
tractor  work  w^s  2i^  miles  per  day  at  the  same  rate,  amounting 
tp  only  $30  per  mile  of  road,  thereby  surpassing  all  previous 
records  for  speed  and  economy  of  road  construction  in  the  state. 
Surveying,  clearing  right  of  'wa.j,  plowing  and  finishing,  however, 
aniouiited  to  considerable;  moreover,  maiiy  stretches  required 
team  and  hand  construction.  The  average  cost  of  the  100  miles 
C)f  jToad  was  $275  per  mile,  not  including  bridges  and  culverts: 

Two-Boad  Graders  TTsed  with  a  Tractor.  The  following  <is 
irom.  Engineering  and  Contracting,  'iAa.j  15,  1918'.  •  Using' power 
ma,chinery  only,  125,000  cu.  yd.  of  dirt  were  nloved  last  summer 
on  ail   Illinois'road  job,  at  a  cost  of  4,1   ct.   per   eu.  yd.     The 
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work  was  done  in  connection  with  the  improvement  of  a  road 
leading  north  toward  Pontiac,  111.  The  first  5  miles  of  this 
highway  was  changed  from  a  narrow  Vvinding  roaii  to  a  level, 
Well  drained  all  the  year  road,  60  ft.  wide  between  fences  and 
40  ft.  wide  between  drainage  ditches. 

The' work  of  clearing 'the  right-of-way 'was  started  on  May  1, 
1917,  and  completed  June  16,  1917,  during  which  peripd  5.18 
acres  were  cleared  of  a  tangled  mass  of.  brush  and  shrubs, and 
over  200  live  trees  from  3  in.  to  3  ft.  in  diameter.  Trees  were 
pulled  by  a  75-hp.  caterpillar  tractor  using  a  lOO-ft.  cable.  Two 
cable   outfits   were  used,    so   that   the   tractor   was   not  delayed 


Fig.  36.     Leveling  Crown  with  Graders. 


waiting  for  hitches  to  be  ra^ie.  The  cost  of  clearing  the  roadway, 
including  labor,  interest  on  investment  and  an  allowance  of  20% 
for  depreciation  of  equipment,  was  $990,  or  $191  per  acre. 

The  grading  was  started  on.  June  18,  1917.  One  75-hp.  cater- 
pillar tractor  was  used  to  pull  two  Western  graders,  one  12-f t. 
to.  make  the  cut,  followed  by  an  8-ft.  to  carry  the  dirt  to  the  cen- 
ter of  the  road.  A  Western  elevating  grader  pulled  by  a  75-hp. 
caterpillar  tractor  was  used  in  some  places  in  making  fills. 
However,  on  some  of  the  deeper  fills  ift  was  necessary  to  use  some 
other  method,  in  order  to  make  time,  and  a  75-hp.  caterpillar 
tractor  was  used  in  connection  with  a  caterpillar  land  leveler. , 
This  land  leveler  is  a  tool  used  extensively  in  the  West  and  js 
in  reality  a  large  scraper  having  a  capacity  of  approximately 
SVs  yd.,  see  Chapter  VI.     With  this  machine  the  dirt  could  be 
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taken  up  and  carried  across  the  road  and  then  unloaded  gradu- 
ally or  at  one  time,  as  conditions  required. 

The  gravel  -for  the  surfacing  of  the  road  ^as  taken  from  a 
near-by  creek  with  a  dragline  excavator  which  delivered  it  to  a 
loading  hopper.  With  the  dragline  excavator  working  steadily 
it  was  possible  to  keep  the  hopper  filled,  so  that  when  the  tractor 
trains  came  up,  which  consisted  of  one  75-hp.  caterpillar '  tractor 
and  six  reversible  trailers,  they  could  be  loaded'  without  delayi 
or  without  shoveling. 

With  this  equipment  a  total  of  a  little  over  125j000  cu.  yd, 
of  dirt  was  moved  in  75  working  days.  The  total  costy  i  including 
labor,  interest  on  investment  and  an  allowance  of  20%  covering 


Fig.  37; '  Caterpillar  Land  Leveler  on  Road  Work. 

depreciation  on  equipment,  was  $5,147,  or  4.1  ct.  per  cu.,,yd.  At 
no  time  were  more  than  8  men,  including  the  superintendent,; 
employed  on  :  the  job,-'  Horses  or  mules  were  not  used  at  any 
time  in  the  work. 

A  Large  Drifting  Scraper  and  Tractor  is  described  iji  Engineer- 
ing q,ndQontraeting,  Feb.  19,  1919.  In  developing  the  70,000racre 
tr;aet  of  the  Crocker-Huffman  Land  &  Water  Co.  at  Merced,  Cal„ 
several  interesting  dirtmoving  methods  were  employed  by  Mr. 
Henry  Lage,  manager  of  the  company.  In  building  the  irriga' 
tjon.  ditches  the  dirt  was  loosened  by.  a  scarifier  hauled  by  a 
cjiterpillar  tractor.  Scrapers  and  mule  teams  were  employed  in 
sgooping  oiit  the  dirt  loosened  by  the  tractor,  and  scarifier.  Pre- 
vjous  to  the  use  of  the  outfit,  the  dirt  had  been  loosened, by  means 
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of  roail  j)lows  puUwl  by  mule  teams.  Five  16-mule  teams  were 
used  ill  tliia  work  and  each  plow' required- three  men  to:  hold  it, 
in  addition  to  the  driver.  For,  the  five  outfits,  20 ,  men  were 
required,  which  at  $2.25  made  the  lahor  cost  $45  per  day.  The 
total  cost,  figuring  the  80  mules  at  $1  each  per  day,  amounted 
to  $125.,  With  the'  tractor  and  scarifier  outfit  the  cost  of 
loosening  the  dirt  was  $18  per  day-^the  cost  for  the  tractor, 
and  the  operator. 

One  of  the  greatest  problems  in-  connection  with  the  develop- 
ment-was the  leveling  of  the  land.  Livestock  was  first  used 
for  the  purpose,-  400  mules  being  employed  with  fresnos.  Later 
caterpillar  tractors  were  substituted  for  the  mules,  one  tractor 
being  used  with  seven  fresnoes.  The  difficulty  with  this  method 
was  that  one  man  was  required  with  each  scraper,  and  with 
seven  men  in  each  battery  of  scrapers,  it  was  difficult  to  get 
the  unity  of  action  necessary  to  make  the  work  .completely  suc- 
cessful. Mr.  Lage  then  proceeded  to  experiment  and  finally 
brought  out  a  land  leveling  machine  which  he  termed  a  ground 
plane.  With  this  plane  he  was  able  to  do  as  much  work  as  he 
had  heretofore  accomplished  with  24  mule  teams  and  fresnoes. 
The  plane  has  since  been  developed  and  improved  by  the  Holt  Mfg. 
Co.  and  is  now  known  as  the  Caterpillar  Land  Leveler. 

jThe  machine  is  designed  and  built  especially  for  use  with 
trkctor  power.  In  tjie  largest  size  (11%  ft.  leveler)  the  bowl 
is  2  ft.  5  in.  highland  the  wings  extend  S'j^  ft.  forward.  The 
capacity  is  4  to  5  yd.  The  smallest  size  (6  ft.  leveler)  has  a 
capacity  of  2  to  2^  yd.  The  bowl  is  raised  or  lowered  while 
the  leveler  is  in  motion  by  a  power  device,  consisting  of  a  sprocket 
keyed  to  the  axle  and  another  one  running  loose  on  the  upper 
shaft  but  attached  to  a  friction  cone  clutch  by  means  of  which 
the  connection  between  the  drive  and  shaft  is  made./  When  the 
machine  is  standing  still  the  bowl  can  be  raised  by  a  large 
hand  wheel.  The  depth  of  cut  thus  can  be  regulated,  and  the 
load  dumped  in  one  place  or  spread  evenly. 

Road  Grading  and  Dragging  with  Tractor.  The  following  ac- 
count  appears   in   Engineering   and   Contracting,   April  2,    1919. 

By  using  a  light  tractor  for  hauling  in  grading  the  Road  Com- 
missioners of  Marquette  county,  Michigan,  were  able  tb'  carry 
out  work  equivalent  to  that  accomplished  by  a  3-teain  grader 
outfit.  The  tractor-grader  outfit  was  used  for  trimming  of 
shoulders  and  reshaping  grades  when  the  work  Was  light.  In 
the  grader  work,'  it  was  found  that  the  machine  made  cuts,  which 
were  nea;rfy  equivalent  to  t,wo  team  cuts  but  not  quite  .as  heavy, 
that  it  operated  nearly  twice  as  fast  as  teams  successfully,  but 
that  any  higher  speed  was  too  fast  to  do  the  work  well.     It  was 
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therefore  considered  that  the  tractor,  taking,  into  consideration 
its  power  plus  its  effective  speed,  replaced  from  two  to  three 
teams  in  such  work.  It  is  planned  to  use  the  tractor-  con- 
tinuously on  a  section  :  gang,  combining  two  of .  the  sections, 
where  team  hire  is  difficult,  and  putting  on  a  section  gang  in- 
stead of  having  a  patrolman  and  a  drag  man  for  each  section. 

A  light  tractor  also  was  employed  during  the  1918,  season  in 
dragging  operations.  '  In  this  work  the  drag  man  found  that:  he 
could  make  his  section  in  approximately  5  or  6  hours;  entirely 
covering  it,  during  the  period  when  his  section  was  all  in  the 
proper  condition  of  moisture  for  drag  maintenance.  The  section 
in  question,:  is  a  stretch  on  the  outside  end  of  one  of  the  county 
roads  and  is  entirely  wooded.  Dragging  with  horses,  it  took  a 
full  day  of  10  hr.  and  often  an  hr.  or  two  overtiane  to  cover 
the  section.     K.  I.  Sawyer  is  County  Road  Superintendent. 

Earth  Moving  Methods  and  Equipment  for  Road  Construction 
are  described  by  A.  R.  McVicar,.  in  Engineering,  and  Contracting, 
April  2,   1918.     .  ,  ,  ,         :. 

Cost  of  Grading,  with  Drag  or  Slush-Scrapers  in  order  to  do 
good  work  with  the  scraper  it  is  necessary  to  have  the  ground 
properly,  plowed  and,  therefore,  we  must  select  the  proper  plow. 
As  for  the  long  handled  farm  plow,,  on  account  ,pf  ths  shape  pif 
the  mould  board,  in  stiff,  clay  or  gumbo,  this  plow  simply  turns 
the  furrow  over,  leaving  it  almost,  if  not  entirely,  intact,  making 
it  almost  impossible  to  load  into  a  scraper.  The  railroad  plow, 
on  account  of  the  abrupt  out-turn  of  the  mould  board,  leaves 
the  furrow  broken  into  short  chunks,,  a  proper  condition  for 
loading.  , 

All  classes  of  earth,' no  matter  how  loose  or  soft,  require  tO;be 
plowed,  for  the  reason  that  you  wiH  And  a  i  certain  suction  in 
unplowed  earth  that  does  not  exist,  in  plowed  earth.  It  is  nepes- 
sary  to  plow  narrow  at  all  times,  and  for  .^hovels  or  slush- 
scrapers,  as  deeply  as  possible.  It  is  not  necessary  nor  ad- 
visable to  plow  so  deep  for  wheelers.  ,1  would  ,.\i^?  to  make 
this  claim  for  the  slush-scraper,  that  there  can  be  .more  earith 
moved  in  the  same  time  for  less  money  with, the  slush-scraper 
than  with  any  other  device,  known.  That  is  ,tp  use  it  where 
and  how  it  is  intended  to  ibe  used,,  viz;.,  majiing  a.;side  fill,  g,,side 
cut  and  fill,  or  wasting  a  cut  to  a,  depth  of  not  more  than  6  ft. 

It:  takes  five  scraper  holders  and  one  4-horse  plow  team  a,iid 
ten  "  slusher  "  teams  to  make  a  complete  gang,  the  ten  scrapers 
to  be  divided  into  five  swings,,  , with  one  holder,, and  twQ,tea,ms 
to  each  swing,  with  one  swing  to  every  IQO.  it.  of  iijqad.  By 
keeping  the  teams  going  in  a  circle;  they  will  move  1,080  yjj. 
per  day,  or  an  average    of  .90  yd.  per  team;  plow  teams  j  included. 
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At  a  rate  of  $6  per  team,  the  eost  per,  team  and.  half  the  time 
of  a  scraper  holder  would  be  $7.  per  day;  that  would  be  moving 
this  earth  for  T%  ct.  per  yard.  Taking  aii  end  haul  of  lOC-ft. 
distance,  including  the  turn  at  either  end  would  bring  thei  round 
trip  up  to  250  ft.  Traveling  at  the  rate  of  Z^  miles  an  hour, 
eight  scraper  loads  per  cu.  yd.,  would  be.  moving  30  yd.  per 
team,  costing  21%  ct.  per  yd.  Two  No.  3  wheelers,  one  snatch 
team,  one  4-horse  plow  teain,  two  whfeeler-holders  and  one  dump 
man  on  this  same  haul  at  a  total  cast  of  $36  per  day  will  move 
30()  yd. 'or  an  average  per  team  of  60  yd.,  bringing  the  cost,  per 
cu.  ydi,  moved  at  12  ct.  Increasing  this  haul  to  200  ft.  with 
the  slushers  would  bring  the  cost  per  yd.  ~to  about  21  ct.,  an 
extra  cost  of  9%  ct.,  while  the  cost  with  the  wheeters  would 
increase  to  1414  ct.  per  yd.  or  an  extra  cost' of  about  214  ct. 

By  these  figures  you  will  see  that  the  economic  limit  of  the 
slusher  haul  is  where  you  leave  the  circle.  The  limit  of  the 
wheeler  haul  is  about  600  ft.  i  But  in  the  event  of  replacing  the 
wheelers  with  dump  cars  the  limit  should  be  considei'ed  400  ft., 
-being  the  distance  where  the  cost  of  wheelers  equals,  or  exceeds 
that  of  the  cars. 

Grading  mth  Grader  or  Road  Scrwper.  I  have  tried  out  the 
road  grader  drawn  by  two  teams  of  horses  that  proved  'very 
satisfactory.  Then  I  tried  three  teams.  This  was  more  of  a 
success,  but  altogether  too  expensive.  I  then  secured  two  8-16  hp. 
kerosene  tractors,  which  proved  to  be  a  little  on  the  light  side. 
I  then  g6t  a  ]0'20,  which  seems  to  be  alright.  I  have  been  told 
that  the  10-20  is  also  too  light,  but  that  is  a  matter  of  opinion, 
as  I  believe  that  the  tractor  is  heavy  enough  for  the  grader 
and 'that  the  grader  is  heavy  enough  for  the  work  I  have  to  do. 

The  earth  can  be  taken  '  off  the  roadbed  or  onto  it  in  better 
shape  by  going  twice  over  it  with  this  light  outfit  than  by  pulling 
up  a  conglomerate  mass  of  lumps  and  stones  with  one  turn  of 
the  heavier  outfit. 

We  have  in  connection  with  this  outfit  a  van  in  which  the 
operators  live.  We  usually  leave  this  van  about  1  mile  from 
the  end  of  the  road  and  work  both  ways  from  it. 

In  starting  work  where  the  ditches  are  formed,  that  is,  after 
a  fashion,  we  have  the  sods  removed  from  the  outer  edge  of  the 
ditch  towards  the  fence,  that  is,  where  the  roadbed  is  not  the 
required  width.  Next,  I  have  the  .sod  shoulders  on  the  roadbed 
removed  toward  and  then  across  the  ditch  on  to  the  boulevard. 
This  being  '  done,  if  we  find  that  the  ditches  are  deep' enough 
for  proper  drainage '  and  the  center  of  the  roadbed  high  enough, 
we  then  continue  to  heel  off  more  from  the  shoulders.'  This 
earth  follows  the  sod  to  the  boulevard.     By  doing  this  we  are 
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forming  the  crown  of  the  road  as  well  as  lessening  the  aipparent 
depth  of  the  ditch,  although  in!  reality  deepening  it.-  Next  the 
grader  passes  up  and  down  the  center  of  the  road  with  plenty 
of  pressure  on  the  blade  to  remove  all  the  solid  lumps.  This  is 
to  have  as  smooth  a  surface  as  possible  tp'.  receive  the  loose  earth 
which  is  to  come  up  from  the  ditch  in  the  finishing,  process. 
Having  this  smooth  surface  to  receive  the  loose  earth  is  as  neces,- 
sary  as  to  have  a  smooth  and  uniform  surface  on  which  to  lay  a 
permanent  pavement.  This  road,  when  finished,  has  a  width  of  24 
ft.  and  a  crown  of  i2  in. 

'  A  Sasoline  Tractor  on  Road  Work.  Mr.  G.  R.  Buchanan  in 
Engineering  Nnos,  Aug,  27,  1914,  presents  some  very  interesting 
data  regarding  the  use  of  gasoline  traction  engines  on  road  work 
in  Caroline  .Coiinty,  Va.  The  type  of  tractor  selected  was  a 
combination  kerosene-gasoline  tractor,  costing  $3,000.  This  trac- 
tor developed  50-hp.  on  belt  pull  and  25-hp.  on  draw-bar  pull. 
More  trsictive,  power  was  developed  on  gasoline  than  on  kerosene, 
and  while  the  former  fuel  was  more  expensive  11;  developed  thaj; 
1  bbl.  of  gasoline  lasted  as  long  as  1.25  bbl.  of  kerosene.  The 
fuel  tank  was  of  1-bbl.  capacity,  and  this  lasted  from  7  to  10'  hr. 
when  the  machine  was  running. 

Grubbing  was  attempted  with  the  tractor  but,  after  a  few 
successful  efforts,  the  gears  were  badly  smashed.  In  one  case, 
damage  to  gears  amounting  to  $150  were  made  on  a  tree  stump 
which  could  have  been  blown  up  with  dynamite  costing  less  than 
$1.  Probably  if  the  belt  power  of  the  tractor  had  been  applied 
to  a  stump  puller  it  might  have  proved  successful. 

The  tractor  regularly  hauled  when  grading  two  large  size 
Buckeye  road  graders  of  a  much  heavier  type  than  are  commonly 
used  in- the  South.  These  machines  when  hauled  by  mules  re- 
quired six  animals.  In  hauling  with  the  tractor  the  graders 
were  set  very  much  deeper  than  it  was  possible  when  hauling 
with  mules.  One  grader  was  hitched  with  an  angle-coupling 
so  that  it  ran  in  the  ditch,  with  the  steering  gear  locked  to 
hold  it  in  that  way.  This  obviated  the  necessity  of  the  steers- 
man required  with  mule  graders.  The  second  grader  was  hitched 
to  a  double-length  pole,  so  that  it  followed  the  first  grader  and 
caught  the^dirt  thrown  from  the  ditch,  and  pushed  it  further 
toward  the  ground.  Work  was  done  with  tractor-drawn  grader 
in  two  trips  which  required  no  less  than  ten  trips  of  the  mule 
drawn  grader. 

There  is  some  work  that  tractors  can  not  possibly  do,  such  as 
light  hauling,  patching  ruts,  and  filling  from  borrow  pits.  It 
was  estimated  that  the  tractor  moved  earth  for  2.8  ct.  per  cu. 
yd.,  which  by  mule  power  had  cost  3.2  per  cu.  yd.     These  figures 
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coverfed'  labdr,  fuel,  lubricating  oil,  etc.,  for  the  tractor;  and  feed, 
stable  cost,  labor,  etc.,  for  the  muleByi  but  not  depreciation 
charges.'  ^ 

The  depreciation  of  the  tractor  during  the  season  was  figured 
at  $800,  while  a  maintenance  account  of  repairs  of  about  $400 
was  incurred.  This  repaiT  charge  was  largely  due' to  breakage 
in  gfears  resulting  from'stuihp  pulling.  During  the  season  tSe 
tractor  riioved  about  100,000  cu.  yd.  of  earth;  which  gives  a 
depreciation  and  repair  Cost  of  $0.0012  per  eu.  ydJ' 
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CHAPTER  X  !. 

METHODS  AKD  COST  WITH  CARS 

General  Types  of  Contractors'  Cars.  Cars  used  for  hauling 
earth  may  be  divided  into  four  general  classes:  Ncfti-dumping 
cars,  "static"  and  "rotating"  dumping  cars  and  tipple  dumping 
or  mine  cars. 

'Non-Dumping  Cars  consist  almost  entirely  of  the  standard 
broad  gage  railroad  flat  cars.  They  are  loaded  in  various  Ways, 
one  of  which  is  by  a  special  type  of  steam  shovel  known  as  a 
railway  ditcher  which  is  mounted  on  a  track  on  top  of  the  cars 
and  which  works  its  way 'along 'the  train'  filling  the  cars  behind 
it.    These  cars  are  emptied  by  drawing  a  heavy  plow  unloader 


Fig.  1.     Loading  Non-Dumping  Flat  Cars. 


attached  to  the  locomotive  by  cable  from  one  end  of  the  train 
to  the  other.  - 

Static  Dumping  Oars  are  so  arranged  as  to  hold  the  burden 
in  a  quiescent  state,  and  are  unloaded  by  the  opening  of  a  gate 
in  the  bottom  or  side,  allowing  the  load  to  flow  gradually  out. 
Their  greatest  effectiveness  is  obtained  in  discharging  an  easily- 
flowing  .burden  containing  a  certain  ajnount, of  "life" — that  is,, 
a  material  that,  does  not  adhere  to- itself,  or  the  car,  such  as 
sand,  'rock,  gravel,  etc.  r 

Rotary  Dumping  Cars  are  mounted  trucks  which,  remain  sta- 
tionary while  the  body  is  overturned  or  tilted  at  an  angle  suffi- 
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cient  to  discharge  the  load  either  to  one  side  or  the  other. 
While  the  body  is  in  process  of  being  tilted,  the  sides  or  gates 
for  (retaining  the.  burden  are  automatically  lifted  or  lowered ,, or 
swung  >  outward,  so  as  not  to  interfere  with  ^  the  slidirtg  movemejnt, 
of  the  load  in  process  of  dumping.     There  are  two  classes  of  car 
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Fig.  2.     The  Goodwin  Patent  Dump  Car. 

intliided  in  this  type,  those  i-equiring  individual  dumping  and 
those  dumping  by  air  or  tother  means  making  it  possible  to 
discharge  a  whole  train  load  at  once.  Rotary  cars  are  particu- 
larly adapted  to  the  carrying"  of  clay,,  earthy  soil,  alluvial  ma- 
terial, etc.     They  are  generally  used  for  hauling  earth. 
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Fig.  3.     30-Ton  Side  Dump  Car. 


Fig.    4.     3-cu.    yd.    Side   Dump    Car     (Made   by    Kilbourne    and 

Jacobs  Mfg.  Co.,  Columbus,  Ohio).     Wheel  Base 

48  in.,  gage  36  in.,  Weight  4,300  lb. 


338 


HANDBOOK  OF  EARTH  EXCAVATION 


Rocker  Double  Side  Dump  Cars  are  widely  used  on  construc- 
tion work.  Fig.  5  shows  a  car  of  this  type  made  by  the  Easton 
Car  Construction  Co.,  of  Easton,  Pa.  These  cars  are  made  for 
capacities  of  from  18  cu.  ft.  to  135  cu.  ft.  and  weigh  from  900 
lb.  to  6,900  lb. 

Tipple  Dump  or  Mine  Gars  can  only  be  used  in  connection  with 
an  automatic  dumping  device.  In  general  the  car  is  tilted  truck 
and  all  and  at  the  same  time  an  end  gate  is  held  open  until  the 
material  slides  out. 


Fig.  5.    Rocker  Double  Side  Dump  Car. 

Track  Mover.  Samuel  A.  Taylor,  in  an  address  before  the 
Railway  Club  of  Pittsburgh,  in  '1911,  gave  a  description  of  a 
track  moving  machine  which  is  used  on  earth  dumps.  The 
operation  is  described  as  follows:  When  the  fill  has  been  made 
to  such  a  width  that  they  wish  to  move  the  track  over,  the  track 
mover,  consisting  of  heavy  chains  and  hooks  hanging  from  the 
end  of  a  boom,  takes  hold  of  the  track  and  lifts.it  until  the  ties 
are  clear  of  the  ground.  Then  a  side  arm,  in  which-  is  placed  a 
pulley  on  which  a  wire  rope  passes,  having  hooks  attached  to  the 
end,  is  then  fastened  to,  the  rails.  This  rope  is  operated  by  a 
small  engine,  which  swings  it  over  to _its  new  position,-  That 
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machine  displaces  a  great  deal  of  labor  and  is  very  economical 
in  coat  of  operation. 

A  Track  Throwing  Car.  An  interesting  device,  invented  by 
Davis  Creerse,  viras  described  and  illustrated  in  Engineering  News, 
Dec.  21.  1899.  This  apparatus  (Fig.  7)  is  fitted,  to  the  rear 
end  of  a  flat  car.  It  consists  of  a  timber  frame  on  which  is  a 
hand  hoist  operating  a  bull  pole.  The  end  of  this  pole  carries 
a  14-in.  wheel  which,  when  the  machine  'is  in  operation,  bears 
against  the  web  of  the  outer  rail.     When  in  operation  the  car 


I'^ig.  6.     Tipple  Dump  Car  Made  by  Austin  Mfg.  Co.,  of  Harvey,  111. 

is  heavily  loaded  with  iron  rails  and  is  hauled  over  the  track, 
the  "  bull  pole  "  throwing  the  track  at  the  rear  of  the  moving  car. 
The  track  may  be  shifted  any  distance  from  6  in.  to  3  ft. 

Switch  for  Narrow  Gage  Tracks.  Fig.  8,  which  is  taken  from 
Engineering  and  Contracting,  Sept.  28,  1910,  shows  a  contractor's 
switch  which  is  very  simple  of  construction  and  operation.  It 
is  also  quite  rigid  and  strong  enough  to  carry  heavy  loads  with- 
out a  great  amount  of  wear.  The  idea,  as  shown,  is  in  joining 
the  two  inside  rails  together  as  a  switch  poi/it  and  shifting  the 
point  back  and  forth  between  "the  outsid^  rails  in  the  positions 
indicated  on  the  plan.  The  ties  are  capped  with  i/^-in.  plates 
as  wearing  surfaces  and  the  switch  points  are  brace!  rigidly.  The 
design  is  the  idea  of  Mr.  G.  R.  Neher,  who  is  constructing  en- 
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gineer  for  the  Atlantic,  Gulf  &  Pacific  Co.,  at  Whitehall,  N.  Y., 
and  the  switch  has  been  used  in  the  contract  work  of  this  com- 
pany in  a  number  of  places. 

Use  of  Cars.  In  ordinary  construction  work  light  (3-yd.)  cars 
are  generally  run  on  light  rails  (16  to  40  Ib^  to  the  yard)  with 
ties  wide  spaced  (4  ft.  c.  to  c.  usually)  and  not  ballasted.  To 
lay  such  track  with  labor  at  30  ct.  per  hr.  has  cost  the  author 
about  $4  per  100  ft.  of  track,  or  $200  per  mile,  after  delivery  of 
•materials.  The  author  lias  u^ed  4x4-in.  ties,  but  cannot  recom- 
mend them,  for  after  once  using  they  are  so  split  by  the  spikes 


Fig.  8.     Details  of  Special  Contractor's  Switch. 


as  to  be  of  little  value.     A  6  x  6-in.  tie,  5  ft.  long,  is  the  best 
for  general  use   on  these  narrow-gage   roadS. 

Roughly  laid  as  such  track  is,  with  light  rails,  and  wide 
spacing  of  ties,  it  is  not  safe  to  estimate  the  rolling  resistance  at 
less  than  about  40  lb.  per  ton  of  load  on  the  car  "wheels  (including 
the  weight  of  car  itself)  on  a  level  track! 

It  is  very  commonly  stated  that  20  lb.   is  the  force  required 
to  pull  a  2,000-lb.  load  over  light  rails.     This  may  be  so  over  . 
carefully  laid,  clean  track,  with  ties  close-spaced,  and  with  car 
wheels  well  lubricated;  but  over  the  ordinary  rough  contractor's 
track,  20  lb.  is  much  too  low  an  estimate. 

In  the  "  Coal  and  Metal  Miners'  Pocket  Book "  is  a  table 
giving  actual  results  of  traction  tests,  including  several  hundred 
separate  tests  under  varying  conditions.  From  these  tables  we 
JiS.ye  summarized  the  following: 
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Per  ehort  ton 

Pull  to  start  mine  cars  (old  style)  loaded  90  lb. 

Pull  to  start  mine  cars   (new  style),  empty  80  lb. 

Pull  to  keep  up  M,-mi!e  per  hr.  speed  (old  style  car) :...  50  lb.  '  'i 

PuU  to  keep  up'^-mile  per  hr.  speed  (new  style  car)....  33  lb.  ; 

Pull  to  keep  up  4'/4-mile  per  hr.  speed   (ol,d  style  empty)  56  lb.    , 

tuli  to  keep  up  4',4-mile  per  hr.  speed  (old  style  full) 66  lb.      ' 

Pull  to  keep  up  :4%-mile  per  hr.  speed  (new  style  empty)  30  lb.     , ; 

Pull  to  keep  up,  4%,-inile  per  hr,  sgeed   (new  style  full)  38  lb. 

The  foregoing  was  for  trains  of  1  to  4  cars,  but  with  a  train 
of  20  cars  the  pull  was  46  lb.  for  old-style  cars  and  26  lb.  for 
new-style  cars  per  short  ton  on  a  level  track.  The  mine  cars 
used  had  a  wheel  base  of  3.5  ft;  they  weighed  2,140  to  2,415  lb. 
empty  and  7,885  to  9,000  lb.  loaded.  The  diameter  of  the 
wheels  was  16  in.,  and  of  axles  2%  in.  for  old-style  car  to  2% 
in.  for  ■  new-style  car,  with  a  steel  journal  5%  in.  long,  well 
lubricated  in  all  cases,  in  fixed  cast-iron  boxes.  The  new-style 
cars  had  better  lubrication,  the  importance  of  which  is  well 
shown  by  the  results  of  the  testa.  The  track  in  the  mine  was 
level  and  in  good  condition. 

The  resistance  to  traction  on  upgrades  is  practicallj^  20  lb. 
per  short  ton  for  each  1%  (1  ft.  rise  in  a  100  ft.)  of  upgrade; 
so  that  on  a  5%  grade,  for  example,  ii  will  require  a  100-lb. 
pull  on  a  rope  to  overcome  the  gravity  resistance  of  a  ton,  plus 
40  lb.  more  to  overcome  the  rolling  resistance,  or  a  total  of  140 
lb.  per  ton.  Working  steadily  for  10  hr.,  a  single  horse  can 
just  about  do  the  work  necessary  to  pull  a  car  up  a  4%  grade, 
that  is  the  tractive  force  of  a  1,200-lb.  horse  is  about  120  lb. 
working  steadily  all  day  long;  in  other  words,  a  horse  can  exert 
a  pull  on  a  rope  of  about  i^q  its  own  weight.  Many  a  con- 
tractor will  say  that  this  is  absurdly  low,  but  experience  has 
ishowu;  it  to  be  not  far  from  righ;t.  However,  for  a  short  time 
a  horse,  like  a  man,  can  exert  a  great  deal  more  force. 

The  author  has  had  a  heavy  team  pull  a  lokd  of  10,000  lb.  up 
a  5%  grade  on  a  macadam  road;  and  actual  test  on  a  spring 
b3,lance  has  shown  that  a  light  pair  of  mules  have  exerted  a 
pull  of  1,000    lb.   (or  500  lb.  each )   ascending  a  steep  earth  road. 

So  it  is  evident  that  for  a  few  minutes  a  horse  can  exert  a 
pull  about  500  lb.  if  he  has  a  good  foothold,  but  he  must  have 
long  rests  between  such  exertions.  It  requires  about  two  times 
as  much  force  to  start  a  car  as  it  does  to  keep  it  in  motion, 
hence  a  horse  should  never  be  worked  within  half  his  capacity, 
that  is  he  should  not  be  required  to  exert  over  250  lb.  pull  at 
any  place  where  cars  are  apt  to  stop,. 

A  dump  car  with  a  box  2  ft.  deep,  5  x  5.5  ft.,  holds  2  cu.  yd. 
water  measure,  but  even  when  heaped  up  with  loose  earth  it  will 
seldom  hold  2  cu.  yd.  of  earth  measured  in  cut.     Such  a  dump 
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car  weighs  about  2,0G0  lb.  and  2  cu.  yd.  of  earth  (place  measure) 
weigh  about  5,400  lb.,  or  a  total  of  7,400  lb.,  or  3.7  tons'.  A 
strong  horse  could  pull  one  such  car  loaded  on  a  level  track  all 
day  long,  and  could  go  up  a  short  4%  grade  occasionally  if  he  did 
not  stop  on  the  grade.  Cars  will  coast  down  a  2%  grade  once 
they  are  started,  so  it  is  not  advisable  to  have  steeper  grades, 
when  brakes  are  not  provided  for  the  dump  cars. 

Mr,  P.  B.  Lieberman  in  a  paper  in  Trams.  Am.  Inst.  M.  E., 
Vol.  LV,  1917,  gives  the  result  of  tests  made  at  the  Greensburg 
Coal  Co.'s  minie  at  Greensburg,  Pa.,  on  mine  cars  with  and 
without  roller  bearings.  His  conclusions  were  that  the  use  of 
roller  bearings  reduced  the  draw  bar  pull  47%  on  speeds  of 
between  5  and  6  miles  per  hr. 

On  the  Chicago  Drainage  Canal  a  great  deal  of  material  was 
loaded  with  a  steam  shovel  into  small  dump  ears  that  were 
hauled  away  by  horses  on  a  slightly  down  gra^e  to  the  foot  of  an 
"  incline,"  where  they  were  pulled  with  a  %-in.  wire  cable  to  the 
top  of  the  bank  by  a  60-hp.  winding  engine  (13x  164n.  cylinder) 
stationed  at  the  top  of  the  bank;  the  cars  were  then  hauled  to 
the  dump  by  -horses.  One  team  pulled  two  cars  holding  3  cu.  yd. 
each,,  or  five  cars^holding  1  cu.  yd.  each.  The  same  team  could 
pull  back  6  empty  3-cu.  yd.  cars.  Two  faces  were  worked  in 
opposite  directions  from  each  "  incline."  Even  then  the  "  in- 
cline "  ^engine  could  handle  more  material  than  two  shovels  could 
excavate.  In  one  case  2,400  cu.  yd.  were  raised  in  10  hr.  An 
extra  team  was  used  to  "spot"  the  cars.  (See  Gillette's  "  Eock 
Excavation.") 

In  excavating  mud  the  author  once  used  an  incline  120  ft. 
long  rising  12  ft.  in  that  distance;  then  there  were  80  ft.  of 
level  track  at  the  foot  of  the  incline  and  40  ft.  of  level  track 
on  a  trestle  at  the  top.  Using  a  team  of  horses  and  a  single  car 
holding  ,1  cu.  yd.,  with  a  hemp  rope  passing  around  a  pulley  ;at 
the  top  of  the  incline,  120  carloads  were  raised  every  10  hr. 
The  team  actually  traveled  14.5  miles  a  day  in  doing  this  work, 
part  of  >vh;ch  it  will  be  seen  was  exceedingly  hard. 

There  are  many  comparatively  small  jobs  where  a  few  dump 
cars  and  some  light  rails  will  enable  a  contractor  to  move  earth 
far  cheaper  than  with  wagons.  Ordinarily  the  dumping  of  the 
cars  where  the  fill  is  light  will  cause  the  earth  to  run  back  and 
block  the  track.  It  is  therefore  customary  first  to  build  a  tem- 
porary trestle,  and  fill  it  in  with  earth;  then  the  track  is  shifted 
fipm  time  to  time  to  keep  it  close  to  the  edge  of  the  embank- 
ment. Even  where  the  fi.ll  is  so  light  as  not  to  pay  to  trestle,  the 
.author  has  found  cars  economic;  for  then  the  earth  can  lie 
shoveled  from  the  cars  at  a  cost  of   12  ct.  per  cu.  yd.    (wages 
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being  30   ct.  per  hr.),  which  is  often  less  than  the  added  cost 
of  hauling  with  wagons. 

Cars  Moved  ty  Hand.  In  excavating  narrow  open  cuts^  or 
tunnels  either  in  earth  or  rock,  a  small  dump  car  ruijning  on 
16-lb.  rails  is  often  used  with  profit.  'A  man  can  readily  push  a 
small  dump  car  holding  %  cu.  yd.  of  earth  (nearly'  half  a  ton) 
on  a  well  laid,  clean  level  track  at  a  walk  of  220  ft.  a  minute 
all  day  long.  With  wages  at  30  ct.  per  hour  the  cost  of  moving 
earth  in  this  way  is  1..5  ct.  per  cu.  yd.  for  every  100  ft.  of  haul, 
which  it  will  be  seen  is  very  much  less  than  the  cost,'  10  ct. 
per  cu.  yd.',  by  wheelbarrows  for  every  100  ft.  of  haul.  In  view 
of  this  low  cost,  and  in  view  6f  the.  ease  with  which  a  16-lb. 
track  can  be  laid  and  shifted  when  made  in  one  rail  sections, 
it  is  surprising  the  contractors  do  not  oftener  use  the  small  end 
dump  car  pushed  by  a  man. 

Cars  and  Portable  T^ack.  G.  P.  Blackiston  in  Engineering  and 
Contracting,  July  13,  1910,  gives  the  following: 

An  immense  bank  of  special  earth  was  practically  encircled 
by  a  deep  canyon  with  the  exception  of  a  very  narrow  stretch 
of  land  connecting  the  mainland  as  it  were,  with  the  high  bank. 

The  margin  of  profit  being  small,  ordinary  methods  of  trans- 
portation were  out  of  the  question.  The  length  and  narrowness 
of  the  stretch  of  connecting  land  did  not  permit  the  use  of 
wagons  or  cartSj  while  the  use  of  steam  shovels  at  the  working 
eiid  was  quite  out  of  the  question  due  to  the  impracticability  of 
transporting  the  shovel  to  the  bank.  The  use  of  dump  cars 
operated  upon  portable  tracks  was  also  impracticable  unless 
they  could  be  loaded  with  the  minimum  of  labor.  This",  there- 
fore, meant  that  the  material  could  not  be  transported  at  any 
distance  in  shovels  from  the  bank  to  the  cars;  in  short,  that  the 
cars  must  be  placed  at  the  very  feet  of  the  laborers  shoveling  — 
permitting  them  to  transfer  the  earth  directly  from  the  bed  to  the 
car  —  yet  there  was  no  room  for  a  vast  complicated  system  of 
switches. 

With  all  this  to  contend  with,  the  contractor  laid  a  portable 
railroad  across  the  narrow  strip  of  ground  to  the  bank.  Here, 
by  means  of  several  short  spurs,  Fig.  9,  he  placed  his  cars 
aljreast  at  the  distance  of  about  10  ft.  apart.  This  permitted 
the  laborers  to  .load  the  respective  cars  from  three  sides  and 
without  moving  a  step  to  secure  the  loads  As  the  work  prog- 
ressed another  section  of  the  portable  track  (attached  to  steel 
ties)  was  laid  and  the  next  cars  loaded  at  a  position  closer  to 
the  base  of  supply.  The  cars  when  loaded  were  conveyed  by 
gravity  to  the  unloader  on  the  opposite  side  of  the  ravine,  some 
626  ft.  away. 


METHODS  AND  COST  WITH  CARS 


345 


By  this  method  coupled  with  the  use  of  steel  dump  cars  and 
portable  tracks  made  by  the  Orenstein- Arthur  Koppel  Co.,  Pitts- 
burgh, Pa.,  the  material  was  loaded,  conveyed  and  dumped  for 
less  than  6.3  ct.  per  cu.  yd. 


y/priA//,/, 


Fig.  9.    Track  Arrangement  for  Loading  Cars  by  Hand. 


Cost  with  Horse-Drawn  Cars.  Hauling-  cars  with  horses  is 
ordinarily  cheaper  than  with  locomotives  for  short  distances, 
unless  the  contractor  already  has  the  locomotives  on  hand. 

Referring  to  the  forepart  of  this  chapter,  it  is  seen  that  a 
strong  team  will  pull  about  5  cu.  yd  of  earth  over  fairly  level 
track  at  a  walk.  With  a  speed  of  team  2.5  miles  anj  hour,  the 
cost  is  1^30  of  an  hour's  wages  of  team  and  driver  per  cu.  yd. 
for  every  100  ft.  of  haul  from  pit  to  dump.  At  this  rate  it  is 
as  cheap  to  haul  with  horses  as  with  locomotive  up  to  a  distance 
of  nearly  a  mile,  provided,  of  course,  that  a  contractor  has  to 
rent  or  buy  the  locomotive,  and  does  not  already  have  it  on 
hand.  A  locomotive,  however,  possesses  one  decided  advantage  in 
th^t  it  can  push  cars  out  into  a  trestle;  whereas,  a  block  and 
tackle  must  be  used  with  a,  team  to  get  the  cars  out  onto  the 
trestle.  If  there  were  no  delays  either  at  the  pit  or  at  the 
dump,  and  a  team  were  moving  all  the  time,  we  thus  see  that  it 
could  haul  3,300  cu.  yd.  100  ft.,  or  100  cu.  yd.,  3,300  ft.  Mani- 
festly the  first  rate  is  impossible  not  only  because  there  are 
necessary    delays,    but   because   enough   men    could    not    be   got 
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around  the  cars  to  load  3,300  cu.  yd.  a  day.  Ordinarily  where 
cars  and  a  team  of  horses  are  used  about  20  shovelers  are 
employed,  seldom  more  than  30  shovelers,  not  infrequently  only 
10.  Ten  men  working  at  a.  face  of  earth  may  each  Undermine 
and  load  15  cu.  yd.  a  day,  which  a  team  could  haul  in  cars  a 
distance  of  2,200  ft.,  making  30  round  trips  if  there  were  no 
delays.  As  a  matter  of  fact  there  will  be  about  two  minutes 
consumed  each  trip  changing  team  from  the  empty  to  the  full 
cars,  and  another  four  minutes  at  the  pit  dumping.  Delays 
while  shifting  track  will  ordinariljr  add  about  four  minutes  more 
each  trip,  making  a  total  of  10  minutes  "lost  time"  each  trip, 
or  two  minutes  for  each  cu.  yd.  This  means  a  cost  of  ^Q-hr.'s 
wages  of  team  and  driver  for  lost  time  per  cu.  yd.  hauled.  In 
this  10  minutes  "  lost  time"'  the  team  could  travel  1,100  ft.  and 
return;  hence,  instead  of  travelling  2,200  ft.  and  return  as  above 
assumed,  the  team  would  really  have  time  to  travel  only  half 
that  far. 

Rule.  To  find  the  cost  per  cu.  yd.  of  loading  from  a  "  face " 
and  moving  average  earth  with  cars  and  horses,  add  together 
these  items: 

%-hour's  wages  of  laborer  undermining  and  shoveling  earth. 

%0-hour's  wages  of  team  with  driver  "  lost  time." 

%-hour's  wages  of  man  on  dump,  dumping,  making  trestle,  and 
track  shifting. 

Then  add  %30-hour's  wages  of  team  with  driver  for  each  100  ft. 
of  haul.  With  wages  of  man  at  30  ct.,  and  horse  at  15  ct.  per 
hr.,  this  rule  becomes :  To  a  fixed-  cost  of  32  ct.  add  0.2  ct.  per 
cu.  yd.  for  every  100  ft.  of  haul;  and  add  the  cost  of  materials 
for  the  dumping  trestle  plus  $250  per  mile  of  track,-  divided  by 
the  total  number  of  cu.  yd.  moved  over  the  track  before  it  is 
torn  up. 

Note. — ■  .Where  a  steam  shovel  is  used,  hauling  cars  by  horses 
is  especially  disadvantageous  because  of  delays  in  switching  and 
"  spotting  "  cars  in  such  short  trains  as  team  hauls. 

Cost  with  Horse-Drawn  Cars.  The  cost  of  excavating  and 
transporting  earth  with  Koppel  1.5-yd.  V-shaped  dump  cars  at 
Attleboro,  Mass.,  is  given  in  Engineering  and  Contracting,  Sept. 
30,  1908. 

These  ears  were  operated  on  a  30-in.  gage  track,  and  were  4 
ft.  5  in.  high,  and  about  5  ft.  7  in.  wide  They  weigh  1,080  lb. 
Some  of  thern  were  equipped  with  brakes.  The  cars  were  operated 
in  trains  of  4  cars,  and  coasted  to  the  dump  by  gravity,  being 
hauled  back  to  pie  cut  by  one  horse  and  a  driver.  Thus  five 
horses  were  used  for  the  40  cars.  The  dead  load  pulled  back 
by  the  horse  was  about  4,400  lb.     A  20-lb.  rail  was  used,  laid  on 
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wooden  ties,  spaced  at  3-ft.  centers.     In  all  2.25  miles  of  track 
was  used  on  the  job.     Several  turn  outs  and  s-yfitches  were  used, 
thus  allowing  the  cars  to  be  kept  alniost  continually  in  motion. 
The  total  cost  for  plant  outside  of  small  tools  was: 

40  cars  at  ?90 $3,600 

70  tons  rails  at  $32   2,240  ' 

.    4,000  ties  at  12%  ct ,..■       500; 

Total    , $6,340 

Estimating  interest,  depreciation  and  repairs  to  the  outfit  at 
2%  per  month,  we  have  a  monthly  charge  of  about  $127  for  plant. 
The  material  was  a  boulder  clay,  consisting  of  loam,  clay,  gravel 
and  hardpan,  and  while  most  of  it  required  but  little  loosening 
with  picks,  yet  some  of  it  had  to  be  drilled  with  short  holes 
and  shot-  with  20%  dynamite.  Some  of  the  work,  where  the 
banks  were  low,  was  worked  from  on  top,  but  most  of  it  was 
worked  from  abreast.  Men  shoveled  the  material  with ,  short 
handled   shovels. 

The  excavated  material  was  hauled  from  700  to  1,000  ft.,  the 
average  haul  being  about  850  ft.  There  were  80  men  employed 
on  the  job  working  under  3  foremen,.     A  10-hr.  day  was  worked. 

During  the  month  of  June  in  25  working  days,  15,000  cu.iyd. 
of  material  were  excavated.  The  cost  for  this  work  was  as 
follows : 

3  foremen,  25  days  at  $5 •••  ?   375.00 

75  men,  25  days  at  $1.80  3,^75.00 

5  drivers,  25  days  at  $1.80  225.00 

5  horses,  25  days  at  |1  125.00 

300  lb.  dynamite  at  10  et 30.00 

Plant  charges  .(estimated)    ; 127.00 

Total  for  15,000  cu..  yd i $4,257.00 

This  includes  all  the  cost  except  general  expenses,  and  the 
month's  proportion  for  laying  track.  The  item  of  transporta- 
tion for  an  850-ft!  haHil  is  low,  since  it  amounts  to  only  %  ct. 
per  cu.  yd.  per  "100  ft.  of  haul.  The  total  cpst  was  28.3;  ct.  per 
cli.  yd. 

Comparative  Costs  with  Wheelers  and  Cars.  The  following 
data  of  the  cost  of  grading  25,000  cu.  yd.  of  average  earth  for 
a  railroad  siding  near  Home^ood,  Pa.,  is  given  by  Mr.  Arthur 
Eeiche  in  The  Industrial  Magazine,  Aug.,  1907.  Part  of  the 
work  was  done  by  scrapers  and  part  by  Koppel  1-yd.  double- 
aide  dump,  V-shaped  cars. 

•  The  car  work  was  in  a  wide  cut  and  borrow  pit,  the  bank 
averaging  5'  ft.  in  height.  Two-thirds  of  the  material  was  aver- 
age earth,  the  remainder  being  ha'-d  gravel  requiring  a  three- 
horse  rooter  plow   for  loosening.  - 
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Portable  track  of.  24-in.  gage  with  steel  ties,  was  used. 
The  cars  were  hauled  in  two  trains  of  four,  a  train  being  pulled 
by  one  horse.  Dumping,  was  from  a  trestle  about  20  ft.-  high 
constructed  of  round  timber  cut  locally;  The  average  haul 'was 
650  ft.  Temporary  apur  tracks  were  laid  over  the  cut  and 
the  plowing  done  on  each  side  of  them.  _  (It  has  been  the  ex- 
perience of  the  author  that,  when  the  depth  of  cut  is  4  ft.  or 
more,  it  is  economical  t(4  work  at  a  face,  undermining  the  earth, 
or  plowing  it  with  a  sidehill  plow,  rather  than  working  f^om 
the  top.  This  is  particularly  true  •  in  hard  material  where  a 
few  light  charges  of  powder  will  loosen  a  large  quantity  of  ma- 
terial much  more  cheaply  than  with  a  plow.) 

The  labor  costs, on  the  car  work  were  as  follows: 

1  foreman     ...: '  $  3.00 

,16  shpvders  at  $1.65 26.40  , 

1  plow  team  and  driver  '. "7.50 

^   1  horse  and  driver 3.50 

3  dump  men  at  $1.65   4.95 

1  track  man   2.00 

Total  per  lO-hr,  day  , $47.35 

The  wheel-scrapCT  work  was  nearly  all  borrow-pit  work,  the 
soil  bei'iig  easily  plowed  by  a  3-horse  grading'  plow.  No.  3 
Western  wheelers  were  used.  The  daily  labor  force  charges 
were  as  follows : 

Foreman %  3.00 

2-h6rse  teams    5.00 

3-horse  snap  teams 7.50 

2  scraper  loaders  @  $1.75  3.50 

Total  per  10-hr.  day ; $19.00 

The  daily  records  showed  that  the  cost  by  car,  including  the 
wages  of  carpenters  building  the  trestle  was  24.5  ct,  per  cu.  yd., 
the  average  haul  being  600  ft.  The  cost  by  wheel  scrapers  was 
26.25  ct.  per  cu.  yd.,  the  average  haul  being  350  ft. 

The  plant-  required  for  the  car  work  was  as  follows,:  Double 
track  trestle,  24  in.  gage,  6  ft.  between  centers  of  tracks,  6 xS-ija,. 
stringers  22  or  24  ft.  long,  2  x  6-in.  ties  on  2.5  ft,  centers,  2  x  12-in. 
running  boards  between  rails,  12-lb.  rails,  trestle  legs  of  greejij 
poles  averaging  30  ft.  in  length  at  5  ct.  per  ft.,  cost  complete 
$1.50  per  lin.  ft.  of  double  track  trestle,  or  $225  for  150  ft. 
erected;  five  split  switches  at  $18,  cost, $90;  two  iron  turntables 
at  $30,  cost_$60;  three  %-cu.  yd.  steel  cars  $190;  total,  $565. 
,Gpod  for  5  yr.  with  10%  for  repairs  and  renewals. 
,.A  Motor  Truck  Hauling  Industrial  Railway  Cars.  Engineer- 
in,g  and  Gantraoting,  ^ug.  2,  1916,  gives  the  .following : 

A  Four  Wheel  Drive  truck  is  used  in  place  of  ■a  locomotive  to 
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draw  a  train  of  heavily  loaded  trailers  on  a  narrow  gage  track. 
The  truck  itself  straddles  the  rails,  and  it  is  interesting  to  note 
that  enough  traction  is  secured  to  pull  the  train  easily  up  a  5% 
grade,  although  no  load  whatever  is  carried  on  the  body  of 
the  truck. 

The  crushed  rock,  gravel  and  cement  hauled  by  this  outfit  are 
being  used  in  the  construction  of  a  16-ft.  concrete  highway 
going  north  from  Sjoux  City,  la.,  on  what  is  known  as  the  Perry 
Creek  road.  The  large  amount  of  material  hauled  is  indicated 
by  the  fact  that  from  500  to  600  lin.  ft. -of  pavement  are  being 
laid  daily.  The  track  is  four  miles  in  length  and  ten  round 
trips  are  made  each  day.  Each  trailer  carries  1%  cu.  yd.  of 
gravel  or  crushed  rock,  making  a  total  pay-load  of  24  to  26 
tons.  The  truck  pulls  this  load  while  running  in  high  gear,  and 
travels  at  12  to  15  miles  per  hr. 

Fifty  teams  and  wagons  were  unable  to  do  the  work  which 
is  now  being  done,  by  this  truck  and  string  of  trailers,  accord- 
ing to  the  contractors,  and  an  enormous  saving  in  cost  is  effected. 
The  average  daily  cost  of  operating  the  truck  and  trailers  in  tliis 
service,  is  $17. 

Hauling  with  Dinkeys.  The  ordinary  "  contractor's  locomo- 
tive," or  "  dinkey,"  travels  on  a  track  of  3-ft.  gage.  The  .size 
of  dinkey  commonly  used  weighs  8  short  tons,  and  is  listed  as 
having  a  tractive  pull  of  2,900  lb.  on  a  level  track.  Whether 
the  actual  tractive  capacity  is  exactly  2,900  I  ,do  not  know; 
but  it  must  be  approximately  that,  for  any  locomotive  can  exert 
a  pulF  of  25%  of  the  weight  on  its  driving  wheels  even  on  clean 
rails.  The  loads  that  a  dinkey  can  pull,  however,  are  much 
over-estimated  in  catalogues,  due- to  too  low  rolling  resistances 
assumed  for  cars. 

It  is  said  in  some  of  the  catalogues  that  the  resistance,  to 
traction  is  6%  lb.  per  short  ton.  This  rate  applies  only  to 
the  best  of  standard  gage  railway  tracks  with  heavy  rails,  well 
ballasted,  and  with  heavy  wheel  loads.  On  a  contractor's  narrow 
gage,  light  rail  track,  the  resistance  to  traction  is  probably  not 
much  less  than  ,40  lb.  per  ton,  and  where  the  cars  are  loaded 
it  is  doubtless  more,  due  to  the  dirt  on  the  rails.  ;  ■ 

•  The  resistance  due  to  gravity  is  20  lb.  per  short  ton  per  1% 
of  grade;  but,  of  course,  the  tractive  power  -of  a  locomotive 
falls  off  20  lb.  for  every  ton  of  its  own  weight  for  each.  1%  of 
grade.  m  .      ) 

Based  upon  these  data,  and  upon  the  assumption  that  the 
resistance  to  traction  is  40  lb.  per  short  ton,  an  8-ton  dinkey  is 
capable  of  hauling  the  following  loads,  including  the  weiglat 
of  the  cars :  ;     '     , 
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Total  tons 

Level  track  • ,   ^ 

1%  grade     ™ 

2%      "         ■■ • 33 

3%      "         v. 26 

4%      "  • ?J     ,      ; 

5%      "  "  :      .' 

6%     -"  ■■- }*      • 

8%      " 10 

Note :  On  a  pool-  ti-aek  not  even  as  great  loads  as  the  above  can 
be'  hauled. 

Due  to  the  accidents  that  frequently  occur  from  the  breaking 
in  two  of  trains  on  steep  grades,  and  from  the  runningi  away 
of  engines,  it  is  advisable  to  avoid  using  grades  of  more  than  6%. 
'  When  heavily  loaded,  a  dinkey  travels  5  miles  per  hr.  on  a 
straight  track;  but  when  lightly  loaded,  or  on  a  down  grade, 
it  may  run  9  miles  an  hr. 

The  following  are  the  average  struck  measure  capacities  of 
the  dump  cars  made  by  one  firm  (variations  of  weight  of  several 
hundred  pounds  occur,  according  to  the  make): 

Capacity,   cu.  yd.    1  VA  2  2%  3 

Weight,  lb 1.700       2,000       2,300  _    2,800       3,500 

A  car  seldom  averages  its  struck  capacity  of  earth  measured 
"  in  place,"  even  when  the  car  is  heaped  full  with  a  shovel ;  for 
not  only  are  there  vacant  places  in  the  corners  of  the  car,  but 
the  loose  earth  is  20%  to  30%  more  bulky  than  earth;  "  in 
place."  1 

The  number  of  dinkeys  required  to  keep  a  shovel  busy  can  be 
estimated  from  the  data  given.  On  short  hauls  (1,000  ft.  <  or 
less)  one  very  often  sees  only  one  dinkey  serving  .  a  1%-yd. 
shovel.  In  such  cases  the  dinkey  is  not  heavily  loaded,  so  that  it 
can  run  fast,  and  by  having  enough  men  to  dump  a  train  of  6 
cars  in  2  or  3  min.,  a  fairly  good  daily  output  of  the  shovel 
can  be  secured. 

In  dumping  the  cars,  estimate  on  the  basis  of  one  3-yd.  car 
dumped  by  each  man  in  1%  to  2  min.  The  men  work  in  groups 
of  2  or  3  in  dumping  the  cars,  and  enough  men  are  usually  pro,- 
vided  on  the  dump  to  dump  a  train  in  3  min. 

When  two  or  more  dinkeys  are  serving  one  shovel,  and  long 
trains  (12  cars)  are  being  used,  it  would  seem  that  very  little 
lost  shovel  time  would  occur  due  to  switching  in  an  empty  train; 
but,  even  under  favorable  conditions,  I  find  that  li^  to  2  min. 
per  train  are  lost  in  switching.  This  is  another  reason  why  a 
shovel  served  by  only  one  dinkey  makes'  so  good  a  showing  on 
short-haul  work.  'Still  another  reason  is  that  at  the  time:,  the 
shovel  is  shifting  forward,  the  dinkey  can  often  make  its  routtd 


METHODS  AND  COST  WITH  CARS  351 

trip;  and  oh  shallow  face  work  this  shifting  of  the  shovel  occurs 
frequently. 

The  method  of  using  a  hoisting  engine  and  cable  to  move 
the  cars  is  quite  common  in  railroad  work,  where  the  hauls  are 
short,  say  1,000  ft.  or  less.  The  track  is  laid  on  a  rather  steep 
grade,  at  least  3%  from  the  pit  to  the  dump,  and  the  cars 
coast  down  by  gravity  usually  in  trains  of  4  cars  holding  about 
2  cu.  yd.  each.  The  hoisting  engines-  pull  the  cars  back  with  a 
wire  rope.  A  team  of  horses  will  have  all  it  can  do  to  pull  a 
train  of  4  such  cars  even  on  a  slight  down  grade  to  the  dump. 
As  a  matter  of  fact,  a  team  that  is  working  steadily  can  not 
be  counted  on  to  pull  more  than  two  cars  holding  3  cu.  yd. 
each,  on  a  level  track  of  the  kind  ordinarily  used  in  contract 
work. 

The  3-ft.  gage  track  commonly  used  is  laid  with  rails  weighing 
15  to  40  lb.  per  yd.  of  single  rail.  A  30  or  ,3S-lb.  rail  m'akes 
a  track  that  is  not  easily  kinked  Under  the  loads,  even  when 
ties  are  spkced  4  ft.  centers.  A  6  x  6-in.  tie,  5  ft.  long,  is  the 
best  size.  I  have  tried  4x4-in.  ties,  but  they  are  easily  split 
by  the  spikes,  and. are  not  of  much  value  after  being  used  once; 
whereas  the  6  x  6-in.  ties  can  be  'laid  5  to  6  times.  After  the 
rails  and  ties  are  delivered,  and  the  roadway  graded,  such  a  track 
can  be  laid  for  $200  per  mile,  or  $4  per  100  ft.,  when  wages  are 
30  ct.  per  hr.  And  the  track  can  be  torn  up  and  loaded  on 
wagons  for  $2  per  100  ft.;  there  being  1  ton  of  30-lb.  rails,  and 
375  ft.  B.  M.  of  6  X  6-in  x  5-ft.  ties  per  100  ft.  of  track.  -     , 

Trautwine  assumes  that  a  contractor's  locomotive  will  readily 
haul  a  train  of  10  dump  cars  holding  1.5  cu.  yd.  each  as  a 
speed  of  5  mi.  per  hr.  He  assumes, 9  min.  lost  time  each  trip 
loading  and  dumping;   and  a  train  force  as  follows-: 

1  engineman    *  H2 

1  dump   foreman,  °"" 

3  dumpmen  @  n.50  *-°" 

%  ton  coal  @  $3  -^ tnn 

Oil,   water,  etc *       i-'^ 

1  switchman ' 

$14.50 
On  these  assumptions  he  figures  that  a  locomotive  in  10  hr.  will 
haul   as   follows: 

4  350  cu.  yd.  with  a    1-mile  haul. 

2  700  cu.  yd.  with  a     2-mile  haul. 

1 950  cu.  yd.  with  a     3-mile  haul. 

1,500  cu.  yd.  with  a     4-mile  haul. 

,    ,  600  cu.  yd.  with  a  10-mile  haul. 

■  ftautwine  then  makes  a  very  serious  error,  for  he  entirely  over- 
looks the  fact  that  no  steam  shovel  can  load  the  full  4,350  cu.  yd. 


352  HANDBOOK  OF  EARTH  EXCAVATION 

in  a  day  that  the  locomotive  might- handle  on  a  1-mi.  haul;  andjhe 
fails  to  see  that  in  reality  the  cost  of  hauling  with  a  contractor's 
locomotive  does  not  depend  greatly  upon  the  length  of  haul.  ,  In 
reality  it  matters  very  little  whether  the  haul  is  long  or  short; 
for  the  steam  shovel  is  the  limiting  factor,  and  a  shovel  may  jjot 
average  500  cu.  yd.  per  day. 

In  widening  cuts  on  railway  work  it  is  often  necessary  to  use 
flat  cars  holding  5  to  10  cu.  yd.  of  earth,  seldom  over"7  cu.,  yd., 
unless  drop  sideboards  are  provided.  A  fla;t  car  is  ordinarily  8.5 
ft.  wide  over  side  sills  and. 32  ft.  long  over  end  sills. 

In  freezing  weather  the  floors  of  the  cars  should  be  sprinkled 
with  brine  just -before  loading,  a  man  with  an  ordinary  garden 
sprinkler  being  detailed  for  the  work.  The  brine  will  prevent 
the  earth  from  freezing  to  the  car  floor  for  3  or  4  hr.;  but  a 
loaded  car  should  never  be  left  standing  over  night,  for  it  will 
tak^  4  to  6  men  a  day  to  unload  a  frozen  car  load  of  earth. 
For  costs  of  hauling  with  dinkeys  and  ears  see  Chapter  XI. 
Greneral  Types  of  Light  looomotive^s.  Light  locomotives  are 
made  to  run  by  steamy  gasoline,  jelectricity  and  conipressed  air. 
There  are  many  varieties  of  each  of  the  four  types. 

Steam  Locomotives  burning 'coal  arA  in  most  general  use.  Oil 
and  wood  burning  machines  are ;  available.  The  Shay  locomo- 
tive is  a  steam  machine  differing  from  the  usual  type  in  that 
instead  of  horizontal  cylinders  directly  connected  to  the  drivers, 
it  has  vertical  cylinders  driving  a  pinion  wheel  which  in  turn 
is  engaged  with  gear  on  the  driver.  The  result  is  an  engine 
of  great  tractive  force  and  slow  speed. 

Gasoline  Locomotives  are  now  being  built  and  their  use  is 
increasing. 

Electric  Locomotives  are  useful  wherever  current  can  be  ob- 
tained and  used  without  danger.  Both  storage, battery  and  con- 
tact type  machines  are  used. 

Compressed  Air  Locomotives  are  most  useful  in  coal  mines  and 
in  certain  industrial  works  where  there  is  danger  of  igniting  gas  - 
or  other  combustible  material.  Their  ultimate  efficiency  is  low. 
Resistance  of  Rolling  Friction.  According  to  the  H.  K.  Por- 
ter Company's  catalog,  the  resistance  due  to  rolling  friction 
varies  with  the  character  and  condition  of  rolling  stock  and 
track.  With  extra  good  cars  and  track  it  may  be  as  low  as 
5  lb.  per  ton  of  .2,000  lb.;  but  614  lb.  may  be  taken  for  first- 
class  cars  and  track,  8  to  12  lb.  for  reasonably  good  conditions, 
and  as  high  as  20  to  40  lb.  for  bad  cars  and  track,  and  60  to  80 
lb.,  or  even  more,  for  excessively  hard-running  cars  and  very 
rough  track.  Cars  with  wheels  fast  on  axles  and  suitable  bear- 
ings and  oil  boxes  .should  not  exceed  8  to  12  lb.;    logging  cars 
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may  run  6%  to  12  lb.  if  of  good  construction,  up  to  20  or  even 
40  lb.  if  with  poor  arrangement ,  for  oiling.  Contractors'  dump 
cars  are  usually  hard-running,  say  10  to  23  lb.;  coal-mine  wagons, 
with  loose  wheels,  are  seldom  less  £han  15.  lb.,  and  often  exceed 
30  lb.  and  with  the  holes  in  the  wheels  worn  oiit  of  true,  and 
the  wheels  scraping  against  the  sides  of  the  car,  may  develop 
60  to  80  lb.,  or  even  greater  resistance.-.  -Street  cars  may  be 
reckoned  at  15  to  25  lb.  The  resistance  of  flange  friction  on 
wooden  i'ails  is  an  indeterminate  quantity,  but  usually  twice 
the  resistance  on  steel  rails.  Poorly  laid  track  and  crooked 
rails  increase  the  resistance  indefinitely.  Overloading  cars  also 
increases  the  resistance  greatly.  The  resistance  is  greater  in 
cold  Weather.  The  resistance  of  rolling  friction  per  ton  is  greater* 
for  empty  cars  than' for  loaded  cars. 

TABLE  II.  PERCENTAGE  TABLE  FOR  APPROXIMATE  COMPUTA- 
TION OF  HAULING  CAPACITY  • 

Grades  Percentages   figured  to  include  Prictional 

Resistances   per   ton  of  2,000  lb. 

On  absolute  level  tlie  percentage    6%  lb.  101b.    15  1b.      20  lb."  301b.  401b. 

of  hauling'  capacity  is             100  65.         43.3       32.5  21.6  16,2 

1%  Grade   -. 23  fO.4       17          14,5 !  ll,,')  9,3' 

2%    r  " 1^.5  11.5'      10.3         9.3  7.7  6.6 

3%      "          .; 8,3  .   7.7   .      7,1  -    6,6'.;  5.6  49 

4%      ■'         .'^ 6,0  6;6         g.3  f'4.9-  4.3  3,8 

5%      "         ..' 4.5  4.3,         4.0  ;■    3.8,r  3.4  3,0 

6%      "          ■    .3.6  3,4          3,2          3,0  2,8  2,5 

7%       ■■          .-      2  9  2.8          26  -     25- ■  2  2  2.0 

S%      "          2,3  2.2          2.1  ■;    2,0,  1.8  1.6 

9%      " 1.9  1,8         1,7         1,6  1,5  1,4 

10%      "          15  -1.5          1.4         1,4  1,2  1.1 

11%      " 1,3  1,2          1,2          1,1  1,0  .9 

To  obtain  the  hauling  capacity  on  any  grade  for  track  of  any 
frictional  resistance,  multiply  the  haiiling  capacity  of  the  loco- 
motive on  a  level  for  a  rolling  friction  of  614  lb.  per  ton.  (This 
is  given  in  Table  I)  by  the  factor  given  above  arid  point  off  two 
decimal  places.  The  actual  resistance  of  rolling  friction  may  be 
determined  by  noting  on  what  down  grade  a  car  once  started 
will  just  keep  in  motion.  If  a  car  will  hardly  keep  in  motion 
if  started  down  a  1%  grade,  its  frictional  resistance  is  just 
about  equal  to  20  lb;  per  ton ;  the  same  proportion  will  hold 
for  other  grades.  ' 

Water  and  Fuel  Consumption  of  Iiocomotives.  The  number 
of  gallons  required  per  mile  by  a  locomotive  is  approximately  1% 
of  the  total  resistance  to  be  overcome.  The  total  resistance  is  e.v  * 
pressed  in  lb.  and  is  equal  to  20  times  the  percentage  of  grade  plus 
the  rolling  friction  in  lb.  per  ton,  times  the  total  weight  of  the 
train,  engine,  tender,  cars  and  load  expressed  in  tons  of  2,000  lb. 

The  ijjimber  of  lb.  of  coal  required  per  mile  under  the  most  - 
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favorable  conditions  i^  very  nearly  the  same  as. the  number  of 
gallons  of  water.,  Und,er  unfavorable  conditions  as  mu'cji  a,s  40% 
more  coal  may  be  required.  This ,  relation  of  coal  to  water  re- 
quired is  based  on  the  asaumptipn  th^t  1  lb.  of  coal  will  evapor- 
ate from  5  to  8  lb.  of  water, 

Tilling  in  Flats  with  Dredged  Material.  (Engineering  Ijiews, 
May  27)  1897.)  In  1874  work  was  commenced  at  Bostoii  for 
reclaimiilgi  the:  South  Boston  Flats,,  and  this  wp'rk  consisted 
of  the  construction  of  seawalls  and  bulkheads  of  masonry,  and 
thei  flllingf  of  the  remainder  of  the  area  witji  dreiiged  materials. 
The  walls  were  packed  with  oyster  shells  and"  gravel,  filling  with 
a  slope  of  45%  from  the  top  of  the  ,w:all.  The  material  used 
for  filling  was  stiff  clay,  dredged,  from  the  harbor.  Th^s  was 
distribtited'  byi  small  cars  on  tramways  and  trestles.  The  con- 
sistency of:the  material  became  semi-fluid  by  handling,  weighing 
about  125  lb.  i;per  cu,  ft.,  and  great  care  was  necessary  in  de- 
positing near  the  walls,  it  being  usually  placed ,  in  ^  layer  4 
or' 5  ft.  deep.  This  layer,  was  left;,foj;' .^eygral  weeks  in  order 
that  it  might '  become  consoUda,te,d  while  work  wa,s  going  on  in 
other  places.    '  ,        .,\  i       ,,  ,     , 

Detailed  descriptions  ofi  the  m,ethQds  used  in  1886  for  filling 
120  acres  are  given  by  Mr.  Frank  W. ,  ,Hodgon  in  Journal  Qf 
Association  of  E/ngineeringi  Soeieties,  .yql.  7,  page  5.  The  ma- 
terial used  for  ifilling  |  consisted,,  ichiefly  of,, blue  and  yellow  cla!y 
with  some  fine  sand  and  gravel, i^  places.  This  was  dredged  from 
various  parts  of  thebaurbor,,  placed  in  scows,  that  were  floated  at 
high  water  over  the,  area  to  be  , filled,  and  then  dumped.  This 
process  was  'continued  until  the  filling  h,ad  rea^h'^d  a  height  of 
about'  3  fti  above,!  mean  Ipw, water,  that  portion  dumped  being 
an  average  of  5  ft.  in,,thipkness.  ,        ,  i      , 

To  construct  the  remaining  10  It.  in  hpight  of,  fill  tlje  material 
was  redredged  if rom  the  scows,,  loaded  on, cars,., and  distributed  on 
trestled  tracks.  The  cars  as  a  irule,  held  7  cu.  yd.,  but  spme 
held  10  cii.  yd.  .Thei  sides  were  hinged  and  the  bottoms  were 
shaped  like  an  inverted  V,  so  that  half  the  material  was  dumped 
on  each  side  of  the  track.  The  cars^w.ere  first  dumped  along  the 
entire  length  of  the  trestle  in  order  to  give,  stability  to  ihe  piles 
supporting '  the  trestle.  Then  dumping  was  cpi^menced  at  .the 
further  end  of  the  track,    i,  ,,,      ;:,.,,,!,,„! 

'  The  material  after  having, been. handled  sexefal  t™e8  was  in  a 
semi-fluid  condition  and  it  assumed  a  slope  20  to  1  or  25  to,  1. 
Great  care  was  exercised  to  keep  thp  dump  moving  as  otherwise 
it  would  dry  and  set  on, the  surface.  Alternate  parallel  tracks 
were  filled  first  in  ordeir,,to,  prevent  the  fl,liing  from  forcing 
adjacent  tracks  out  of  line.  (  IVfaterial  dr^ged  by  ^cppps,  or  dipper 
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dredges  in  the  first  placp  and  then  loaded  into  cars  by  clam 
shell  dredges  was  broken  up  more  and  worked  better  than  when 
first  dug  by  and  also  loaded  by  clam  shell  dredges. 

Attempts  were  made  to  place  the  material  from  cars  that  had 
been  carried  on  scows  and  loaded  directly  at  the  dredging  site, 
but  this  material  was  firm  and  would  not  run  from  the  cars. 
Other  attempts  to  carry  the  track  directly  on  the  doimp  instead 
of  on  a  trestle  failed  coilipletely  because  the  tracks  could  not  be 
held  up. 

The  dump  was  leveled  by  men  with  wheel-barrows;  150  ft.  from 
the  track  being  about  the  economical  limit  of  haul.  Attempts 
at  spreading  the  material  with  scoops  drawn  first  by  oxen  and 
later  by  a  hoisting  engine  and  cable  were  also  unsuccessful. 

Cost  with  Horse-Drawn  Cirs  and  Portable  Track.  We  are 
indebted  to  A.  W.  Sperry  for  the  following  data  appearing  in 
Etigineefikg  and  Contracting,  Oct.  14,  1908,  regarding*  the  use 
of  steel  Koppel  cars. 

Six  to  nine  cars  were  used,  of  36-cu.  it.  capacity,  running  on  a 
24-in.  gage  track.  These'  ears  weigh  900  lb.,  and  stand  4  ft.  2  in. 
above  the  top  of  the  rail.  They  cost  about  $80  apiece.  The 
rail  was  of  20-lb.  section,  costing  about  $30  per  ton. 

The  excavation  was  made  from  a  borrow  pit  alongsidei  a  rail- 
road track,  with  the  result  that  no-  ties  were  needed  for  the 
dirt  track,  but  the  rails  were  laid  directly  on  the  old  ties  and 
between  the  rails  of  the  standard  gage  track.  This  is  an  eco- 
iiomical  method  when  lighter  rails  are  used  than  those  in  the 
standard  gage  track,  but,  when  the  same  weight  rail  is  used  in 
both  tracks,  then  it  is  necessary  to  lay  only  one  rail  for  the  dirt 
track,  using  one  rail  of- the  standard  gage  track  for  the  dirt  cars. 
This  effects  a  considerable  saving  in  money  in  track.  In  all 
2,6o6  lin.  ft.  of  track  were  used. 

There  were  7,000  cu.  yd.  of  material  taken  from  the  lower  pit, 
and  hauled  an  average  of  1,000  ft.,  down  grade,  about  onerhalf 
being  a  2%  grade  and  the  other  half  a  4%  grade.  In  making _ 
the  fill,  at  times  the  rail  was  laid  on  grades  as  high  as  8  or 
10%.  The  cars  would  readily  coast  from  the  lower  pit^  and  were 
drawn  back  by  horses. 

The  material  was  a  glacial  deposit,  containing  from  15  to 
20%  of  large  boulders,  fully  50%  of  which  had  to  he  blasted. 
The  cQst  of  blasting  is  included  in  the  record  of  cost  given  - 
below.  These  boulders  prevented  the  material  from  being  classed 
as  earth.  Under  most  specifications  for  excavation,  the  material 
would  have  been  classed  as  earth  and  loose  rock.-  i 

The  cars  were  tal^en  to  the  dump  in  trains,'  a  brakeman  being 
used  on  each  train.     Three  to  four  horses  working .  single,  with 
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a  driver,  hauled  the  cars  back  to  the  cut;    One  man  was  also 
used  on  the  dump,  and  he  also  attended  to  the  track  work. 
A  10-hr.  day  was  worked  and  the  following  wages  were  paid : 

Laborers     J1.40  to  $1.65 

Brakemen     X.75 

Dumpman 1.75   - 

Firemen 3.00 

Drillers 1.65 

Single  horse  and  driver   3.00 

From  35  to  45  laborers  were  used  on  the  work,  from  3  to  6 
drillers  and  2  firemen.  The  firemen  attended  to  the  blasting. 
It  was  necessary  to  build  a  temporary  trestle  across  a  highway 
at  a  cost  of  $195j 

The  following  is  the  cost  per  cu.  yd.  for  each  item  of  the 
work  compiled  from  the  total  cost: 

Loading   cars    '. $0,215 

■  Temporary  trestle  across  highway   0.015 

Drillers     0.035 

Elxplosives     0.010 

Bumpmen  and  track  work 0.023 

Horses   and  drivers    0.045 

-Bijak^men 0.022 

S'reight  and  hauling  ons  outfit  0.025 

.JBepreciation  of  plant   (about  7%%)    0.015 

^^jiperintendence .' ,0.015 

Total  per  cu.  yd $0,420 

Owing  to  the  large  number  of  boulders  in  this  work,  scrapers 
could  not  have  been  used  in  excavating  the  material.  The 
boulders,  too,  were  very  hard  on  the  cars;  nevertheless  the  cars 
stood  up  well  under  the  work.  Owing  to  th^  down  grade,  the 
ears  were  much  more  economical  in  doing  this  work  than  either 
dump  carts   or  wagons  would  have  been. 

The  track  work  cost  about  $80  for  this  job,  thus  making  an 
average  cost  of  4  ct.  per  lin.  ft.,  or  $210  per  mile,  of  track  laid 
and  taken  up;   but  it  must  be  remembered  that  no  ties  had  to  ' 
be   laid,    as    it   was   an    "  industrial   track "   made    iii..  portable 
sections. 

It  will  be  noticed  that  the  cost  of  blasting  was '4%  ct.  per 
cu.  yd.  excavated,  more  than  75%-  of  the  cost  being  for  the  drill- 
ing. As  there  were  only  about  700  cu.  yd.  of  boulders  blasted, 
the  most  per  cu.  yd.  for  blasting  for  the  boulders  acj;ually 
blasted  was  45  ct.  The  hauling  of  the  material  cost  nearly  7  ct. 
per  cu.  yd. 

Taking  into  consideration  the  class  of  material  excavated  and 
the  dost  of  blasting  and  the  temporary  trestle,  the  cost  for  the 
work  is  very  reasonable.'  i    ; 
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,  Portable  Railways  in  Road  Construction.  Engineering  and 
OontraoHng,  Mar.  4,  1914,  gives  the  following: 

For  roadwork  portable  track  is  laid  along  the  side  of  the  grade 
or  along  the  shoulders,  and  extends  from  the  railway  siding, 
gravel  pit,  stone  quarry  or  other  source  of  supply  to  the  places 
where  work  is  beiiig  done. 

The  equipment  used  on  roadwork  near  Lockport,  N.  Y.,  con- 
sisted of  about  four  miles  of  narrow-gage  portable  track,  40 
( 36-  X  24-in. )  dump  cars  and  two  5-ton  dinkey  locomotives.  The 
cars  were  hauled  in  trains  of  12  cars  each,  the  arrangement 
being  so  made  that  there  was  always  one  train  of  loaded  cars  on 
the  way  to  the  site  of  the  work,  one  train  of ;  empties  returning 
for  material  and  one  train  of  cars  being  loaded.  The  average 
amount  transported  -*as  80  cu.  yd  per  day. 

While  hauling  stone'  three  miles  from  a  crusher  at  the  quarry 
to  the  road  the  cost  of  operating  the  trains  was  as  follows : 

Fuel  and  oil  for  locomotives  and  carS   J  8.00 

,  Labor: 

'  2  enginemen    at   $2.75    5.S0 

2  brakemen  at  $1.75   . . ; : 3.B0 

1  ti:ack  foreman  at  $3  . . . ; 3.00 

1  track  laborer  at  $1.75     1.75 

Totals    $21.75 

Cost  per  en.  yd : $0,272 

As  the  material  was  hauled  three  miles  the  labor  and  fuel 
cost  was  9  ct.  per  cu.  yd.  per  mile.  The  average  cost,  of  grading 
the  shoulder  or  berm  of  the  road  ready  for  track  laying  and 
laying  track  was  between  2  and  3  ct.  per  foot  of  track. . 

Cost  with  a  Light  Railv^ay  on  Road  '^ork.  The  Easton  Car 
and  Construction  Co.  of  Easton,  Pa.,  furnish  the  following  data 
on  18  miles  of  road  Built  for  the  state  at  Bremen,  Ind.  The 
cars  used  are  standard-  1%  yd.  capacity  rocker  dump  car.  Trains 
consisted  of  from  15  to  21  cars  which  weigh  1,400  lb.  each 
when  empty  and  hold  11^  cu.  yd.  of  wet  gravel  weighing  3,100 
lb.  per  yd.  The  average  train  is  20  cars  or  60  tons  on  grades 
varying  from  level  to  2%  against  the  loads.  The  loco»iotive 
starts  this  load  on  a  grade,  as  the  grade  is  too  long  for  a  level 
start  to  do  much  good.  Curves  of  30.  ft.  radius  are  used,  and  the 
portable  track  is  composed  of  20-lb.  rails  on  steel  ties  3  ft.  apart. 
This  portable  track  is  made  in  15-ft.  sections  complete  with  steel 
ties  and  fish  plates,  so  that  a  section  may  be  easily  handled 
by  two  men.  One  car  in  perhaps  five  or  six  is  equipped  with 
brakes  on  all  four  wheels,  operated  by  means  of  standard  brake 
mast  and  freight  car  type  of  hand  wheel.  The  engineer  on  the 
job  states  that  they  niake  three  round  trips  in  a  9-hr.  day,  7 
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miles  each  way,  or  42  miles,  which  is  an  average  of  about  5 
miles  per  hr.,  including  delays  for  loading,  switching  and  all 
other  causes.  They  fill  the  300  gal.  water  tank  after  each  trip, 
although  this  is  not  necessary.  It  takes  them  4  min.~  to  fill  the 
tank  by  means  of  a  syphon  which  is  always  attached  to  the  lo- 
comotive. They  also  fill  the  coal  bunker  which  holds  approx- 
imately 400  lb.  after  each  trip,  or  three  times  each  day;  the  con- 
sumption of  coal  in  9  hr.  is  therefore  1,200  lb. 

The  cost  of  hauling  per  day  of  10  hr.,  the  haul  being  5  miles, 
is  as  follows': 

(Average  speed  including  time  for  coaling,  taking  water  and 
coupling,  5  miles  per  hr.     Actual  time  8  to  10  miles  per  hr.) 

Sngineman    ; i  3qq 

Helper  for  switching  and  coupling  cars  ..........!.  2  00 

Coal,  %  ton  at  f 4  2  00 

Oil  and  waste ,: ........... .  iso 

Laying  and  taking  up  track  at  $50  per  mile  x  5  miles  =  $250' (.iSO 

average  working  days  per  season)    1.67 

2  laborers  on  track   i 4.00 

Interest  and  depreciation  on  outfit  costing  $12,000,   at  20%,   includ- 
ing repairs  for  one  year  based  on  150  working  days  16.00 

Total  per  ^ay  worked  $29.17 

Eight-ton  locomotive  will  haul  20  loaded  cars  or  more  per 
trip,  averaging  30  yd.  on  grades  up  to  2%%,  and  make  5  round 
trips  on  5  miles  haul  in  10  hr.,  or  haul  150  cu.  yd.  per  day, 
equal  to  750  cu.  yd.  miles;  cost  per  cu.  yd.  mile,  3.9  ct. 

Hauling  Macadain  Over  a  Portable  Track ,  in  111.  According 
to  Fred  Tarrant,  in  Engineering  News,  Feb.  18,  1915,  two  20-hp. 
locomotives,  6  miles  of  portable  track,  and  1.5-yd.  steel  dump 
cars  were  used  in  the  construction  of  a  12.5-mile  water-bound 
macadam  road,  10  ft.  wide,  in  Illinois.  Rails  and  ties  were  made 
in  15-ft.  sections,  weighing  225  lb.  Two  flat  cars  were  used  for 
hauling  the  track,  but  trains  of  dump  cars  coupled  together 
with  6-ft.  poles  were  better. 

A  track  crew  of  four  men  could  lay  an  average  of  2,000  ft. 
of  track  per  day.  In  order  to  keep  the  track  in  good  alignment 
one  man  was  required  continuously  to  watch  and  correct  low 
joints  and  loose  connections. 

By  placing  10  to  12  cars  ahead  Of  the  locomotive,  and  from 
12  to  16  cars  behind  it — -depending  upon  the  grade — one  lo- 
comotive could  handle  long  trains.  Where  the  grade  was  4% 
or  over,  the  engine  dropped  to  the  rear  end  of  the  train,  and 
pushed  the  forward  cars  to  the  top  of  the  hill,  returning  for 
the  other  half  of  the  train  later.  Switching  in  the  yard  was 
handled  by  a  mule.  The  equipment  on  one  job  was  rented  for 
6  months,  and  in  five  months,   35,473  cu.   yd.   of  broken   stone 
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were  handled,  with  an  average  haul  of  3.17  mileSj  at  a  cost  on 
the  rental  ba^ls,  including  all  the  expenses  and  hauling,  both 
ways,  of  14.8  ct.  per  tonrinile.  This  included  also  the  neces- 
sary expenses  for  the  equipment  in  first  class  shape.  Team  haul- 
ing on  this  job  was  estimated  to  cost  ^%  least  28  to  30  ct.  a  ton- 
mile. 

Hauling  Macadam  Over  a  Portable  Track  in  MicH.  R,  P. 
Mason,  in  Engineering  and  Gontnetmg,,  Apr.  7)  1915,  gives  the 
following:  '  ■  .  ,  ^ 

We  had  a  very  considerable  stretch  of  macadam  Toa.d  to  build 
and,  in  anticipation  of  a  continuous  program  covering  several 
years,  a  Koppel  hauling  outfit  was  purchased  consisting  of  a 
30-hp.  locomotive,  50  cars,  a  tracklaying  car  and  four  miles  of 
24-inr  gage  portable  track  with  curves  and  switches,  This 
track  is  20-lb,  rail  made  up  in  15-ft.  sections  with  seven  steel 
ties  to  the  section.  This  unit  is  readily-  handled  by, two  men. 
It  is  necessary  to  Kave  track  that  is  really  portable  and  for  this 
reason  this  type  was  selected. 

Owing  to  the  very  narrow  gage  a  low  center  of  gravity  lo- 
rcpmotive  is  very  desirable  and  the  selection  of  the  above  type 
with  the  water  tank"  beneath  proved  to  be  wise,  as  it  kept  the 
rails  on  occasions  when  a  less  stable  engine  must  have  cap- 
sized. The  cars  have  roller  bearings  and  are  extremely  easy 
running. 

Our  season's  work  was  9.5  miles  of ,  16-ft.  macadam  6  in.- in 
depth  compacted,  laid  in  two  courses,  on  what  is,- known  as  the 
Manistique  Trunk,  or  the  road  connecting  Escanaba  with  Man- 
istique. 

We  contracted  for  a  sufficient  supply  of  stone  to  keep  the 
outfit  busy  to  maximum  capacity,  to  be  delivered  in  hopper,  bot- 
tom cars;  and  I  would  say  that  this  is  a  matter  not  to  be  over- 
looked, there  must  be  a  sufficient  and  constant  supply  of  stone 
and,  if  shipped  to  the  job,  the  railroad  equipment  must  be  in  pro- 
portion and  of  proper  and  uniform  type  of  cars  to  facilitate 
rapid  unloading,  or  the  efficiency  of  the  work  will  suffer.  The 
total  output  of  a  good-  sized  quarry  is  required  to  keep  this  outfit 
busy  and,  as  we  have  handled  over  400  cu.  yd.  per  day  on  short 
and  nledium  haul,  it  is  evident  that  no  small  crushing  plant  or 
undeveloped  quarry  would  keep   things  going. 

A  loader  consisting  of  a  24rft.  belt  elevator  carrying  l6-in. 
steel  buckets,  driven  by  a  6-hp.  gas  engine,  carries  the  stone  from 
a  pit  beneath  the  standard  track  into  two  small  bins  —  one  for 
the  large  stone  and  one  for  screenings,^ — the  stone  being  deflected 
into  the  proper  bin  by  a  hinged  door.  A  powerful  winch  with 
steel  cable,  driven  by  the  same  engine,  is  used  to  spot  the  cars, 
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both  standard  and  small.  The  pit  mentioned  is  fitted  with  a  slid- 
ing door  to  control  the  flow  of  stone  to  the  belt.  The  capacity 
of-this  loader  is  about  600  cii.  yd.  per  day. 

The  portable  track  is  laid  under  the  bins  with  a  siding  to  take 
care  of  the  empty  train.  Suitable  doors  in  the  bins  furnish  the 
means  of  filling  the  train  and  the  average  time  of  filling  a  25-car 
-train  is  ^  hr.  Train  was  supposed  to  be  always  loaded  and 
ready. 

Tracklaying  is  handled  generally  ,  by  three  to  four  men  and  a 
car  of  steel  is  sent  out  as  needed  at  the  head  end  of  the  stone 
train,  carrying  20  sections,  or  300  ft.  of  track.  As  our  day's 
macadam  work  seldom  exceeded  one-eighth  of  a  mile,  two  to 
three  cars  of  steel  per  day  were  sufficient.  The  track  is  laid  on 
the  shoulder  after  the  grade  is  complete  and  made  as  permanent 
as  possible,  for  it  is  found  that  it  pays  to  have  the  track  well 
leveled  and  solid  in  order  to  make  time  with  the  train.  At  least 
one  man  was  kept  going  over  the  track  constantly,  especially  in 
wet  weather,  to  keep  it  in  shape.  As  fast  as  any  considerable 
section  of  the  road  was  finished  the  track  was  thrown  to  the  center 
of  the  road,  the  metal  thus  giving  a  perfect  roadbed  for  the  long 
haul. 

The  speed  of  the  train  was  about  10  miles  per  hr.,  though 
that  was  not  maintained  as  an  average  on  account  of  a  number 
of  railway  grade  crossings  where  a  watchman  was  stationed 
and  where  a  siort  section  of  track  had  to  be  placed  and  re- 
moved for  the  passage  of  every  train.   , 

Trains  of  20  cars  were  hauled  on  the/  start  and  five  cars  were 
added  later,  making  25-car  trains,  arid  it  is  the  intention  to. 
haul  30-ear  trains  this  season,  as  we  find  that  the  locomotive 
will  easily  handle  that  many  on  our  ordinary  grades.  Cars  were 
loaded  with  1%  cu.  yd.  which,  when  dumped  at  a  standstill,  just 
made  one  course  of  the  large  stone.  The  loaded  train  is  always 
pushed  in  order  to  have  the  locomotive  back  of  the  dumped 
stone.  The  haul  was  about  3%  miles  each  way  from  the  set-up; 
season's  average  nearly  eight  trains  per  day  and  236  cu.  yd. 'per 
day  of  stone. 

The  spreading  was  done  with  a  road  machine  hauled  by  two 
teams.  When  the  cars  were  dumped  there  was  always  some  stone 
left  in  them,  but  as  the  machine  cut  close  to  the  cars,  after  the 
second  trip  the  remainder  was  removed  with  a  rake  in  a  moment 
and  the  train  was  free  to  pull  out.  The  unloading  did  not  con- 
sume to  exceed  10  min.  ^ 

The  road  machine  finished  the  spreading  while  the  train  was 
making  another  trip  and  a  very  little  trimming  with  rakes  left 
the  road  in  perfect  condition  for  rolling. 
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The  erew  required  was  about  as  follows: 

Loader    4  men 

Train     2  men;- engineman    and    brakemau 

Spreading     2  teams   and   teamsters 

Spreading 5  to  7  men 

Kolling   ' 3  men 

Sprinklin-g    2  teams  and  teamsters 

Foremali    1 

Watchmen    1  or  more 

Trac.klaying     4 

Wages  were  $2  per  day  for  laborers,  $5  for  teams  -with  team- 
sters, $3  for  rollermen,  engineman,  $90  per  month.        < 

Compared  with  team  haul  the  method  described  shows  a  saving 
of  about  30  ct.  per  eu.  yd.,  or  nearly  $700  per  mile.  We  also 
save  39  ct.  on  our  stone  and  10  ct.  on  the  unloading,  making  a 
total  of  about  $1,800  per  mile  over  previous  prices.  The  saving 
on  haul  alone  would  be  more  marked  on  a  longer  haul.  We 
also  used  the  outfit  in  grading  where  material  had  to  be  moved 
some  distance  and  found  it  extremely  convenient  and  economical. 
Another  very  decided  advantage  of  road  building  by  this  method 
is  seen  in  the  fact  that  there  is  no  haulijig  over  the  road  during 
construction  and  it  is  opened  to  traffic  in  perfect  condition.  It  is 
also  easier  to  keep  the  subgrade  from  being  cut  up  and  therefore 
takes  I'ess  stone  for  a  given  thickness. 

The  following  costs  include  everything  that  is  a  proper  charge 
.to  the  work,  the  cost  of  moving  outfit  from  one  point  to  another, 
laying  up,  and  tracklaying  includes  taking  up  as  well.  Load- 
ing includes  setting  up  loader-  and  in  one  case  building'  a  siding 
1,000  ft.  long.  The  number  of  watchmen  makes  the  hauling  cost 
high ;  a  greater  output  Will  cut  down  the  spreading  and  the 
overhead  in  this  case  is  high  on  account  of  the  short  season. 

(■  '  '      . 

No.  of  days  worked 93 

Miles  of  finished  stone   '...,:\ 9.44 

No.  yards  stone  used    21,920 

No.  yards  stone  used  per  mile   2.310           , 

No.  days  to  build  mile  of  road  —  average  9.4 

No.  yards  stone  per  day 236 

Cost- of  tracklaying  per  mile  of  finished  road  $108.10 

Cost  per 
cu.  yd. 

Cost  of  ^tone  at  our  siding  $0,860  - 

'  Loading   trains    052 

Tracklaying     047 

,  Engineer 020 

^  Brakeman     013 

Watchmen    .017 

Coal    . . .  , 012 

Oil,  grease  and  waste   002 

Repairs    , . . .  i , 003 


Total    $0,114 
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Interest  and  depreciation  on  hauling  outfit  $0,052 

Spreading     114 

Sprinkling 043 

Rolling     082 

Foreman  and  timekeeper    030 

Total    .'. $0,269 

Interest  and  depreciation  on  all  other  machinery  $0,040 

General    expense    .031 

Total    $0,071 

Total  cost  per  yd.   (loose)  of  finished  road  $1,418 

Cost  per  mile   $3,275.58 

Hauling  with  Gasoline  Kine  Motors.  The  installation  of  three 
gasoline  mine  motors  to  replace  mule  haulage  in  the  entries  of 
the  mines  at  Walden's  Ridge,  Tenn.,  as  described  by  G.  E.  Syl- 
vester in  Mines  and  Minerals,  has  displaced  23  mules  and  re- 
duced the  cost  of  hauling  by  49.1%.  All  the  extra  work  in  the 
mine  entry  necessary  for  the  installation  of  these  motors  was 
some  slight  trimming  to  give  ample  clearance  and  going  over  the 
track  to  replace  with  20-lb.  rail  the  places  on  the  entry  where 
a  lighter  rail  had  been  used.  The  following  is  an  abstract  of 
Mr.  Sylvester's  article  as  published  in  Engineering  and  Contract- 
ing, Ma,j  31,  1911:'  / 

There  was  no  difficulty  found  by  reason  of  the  many  curves, 
as  the  motors  have  a  4-ft.  wheel  base  and  can  take  a  curve  of 
25-ft.  radius.  The  locomotives  are  6  tons  eacli  and  were  built 
for  the  mine  gage  of  33  in.  They  are  designed  with  4-cylirider 
engines,  of  ample  power  to  slip  the  wheels,  and  all  parts  are 
well  protected,  as  is  necessary .  for  mine  use. 

The  mine  cars  used  are  about  1,400  lb.  in  weight  and  carry 
1.2  tons  of  coal.  As  the  grade  is  in  favor  of  the  loads,  the 
empty  cars  up  the  entry  make  the  load  for  the  motor.  The 
regular  20-car  trips  are  handled  without  difficulty,  and  on  trial 
trips  40  cars  have  been  taken  up  the  entry. 

The  coinparative  estimate  of  mule  and  motor  haulage  on  one 
entry  is  as  follows: 

COST   OF   COAL  HAUL   ON   NO.   2   ENTRY,   1%  MILES   OR  3  MILES 
FOR  ROUND  TRIP 

10  twenty  car  trips  equals  224  tons 

By  mules  — 

4  drivers  at  $1.65  $  6.60 

9  mules  at  $0.50    4.50 

Total  by  mules   $11.10 
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By  motor  — 

1  motorman,   per  day   $2.05 

'1  coupler,   per  day    r- ,  1-85 

1  '■     13  gal.  gasoline  at  11^  ct 1.50 

2  lb.  carbide  at  4  et '. , 08 

^  gal.  gasoline ,  engine  oil  at  23  ct 12 

1  gal.  transmission  case  oil  •'•r-'- -^4 

Total  by  motor   '. $5.64 

Saving  by  motor   • $5.46 

Or,  49.1%. 

These  motors  use  12  to  13  gal.  of  gasoline  each  per  shift.  The 
gasoline  tanks,  of  which  there  are  two  on  each  motor,  are  so 
placed  in  the  frame  as  to  be  well  protected  in  case  of  derailment 
or  accident.  Th^  tank  can  only  be  filled  when  detached  from  the 
motor,  and  in  changing  these  tanks  it  is  necessary  to  have  the 
valve  closed.  There  are  two  extra  tanks  with^each  motor  and 
these  are  filled  on  the  outside„  When  brought  into  the  mine  they 
are  perfectly  sea!led  until  after^being  exchanged  with  empty  tanks 
on  the  motor.  There  is  therefore  no  handling  of  exposed  gasoline 
in  the  mine.  The  motors  are  made  by  the  Geo.  D.  Whitcomb  Co. 
of,  Rochelle,  111. 

Cost  of  Mine  Haulage  by  Electric  locomotives.  Mr.  W.  F. 
Murray  is  the  author  of  an  article  on  mine  haulage  appearing  in 
Engineering  and  Mining  Journal  and  in  Engineering  and  Con- 
tracting, Feb.  27,  190t. 

The  following  figures,  abstracted  from  the  latter  account,  show 
an  actual  comparison  of  cost  of  haulage  by  mules  and  by  electric 
locomotives  in  a  mine  where  14  mules  were  replaced  by  one  loco- 
motive. The  output  of  the  mine  averaged  1,500  tons  per  day 
for  245  working  days  per  year.  The  cars  weigh  2,400  lb.  empty 
and  hold  3,600  lb.,  making  a  total  loaded  weight  of  6,000  lb.; 
1,500  tons  per  day  for  245  days  makes  a  total  of  367,500  tons 
yearly  output. 

Cost  of  Mule  Haulage.  Mules  cost  $180  each  and  harness  $25 
per  set,  The  investment  cost  for  mule  haulage  is  therefore  as 
follows: 

14  mules'at  $180.' $2,520 

.  14  sets  of  harness  at  $25  .^ 350 

Total    $2,870 

Figuring  annual  depreciation  at  20%  and  interest  at  6%  we 
have  for  interest  and  depreciation  charges: 

Depreciation  on  $2,870  at  20%   $574 

Interest  on  $2,870  at,  6% 172 

^     Total   $746 
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It  costs  50  ct.  per  mule  per  day  for  feeding,  care  and  repairing 
harness.  The  wages  of  drivers  are  $2.80  per  day.;  In  addition, 
it  is  the  custom  in  the  West,  where  mule  haulage  is  employed,  to 
have  a  boss  driver  whose  duties  consist  of  directing,  the  drivers 
to  the  different  rooms,  of  seeing  that  the  diggers  have  sufficient 
cars,  etc.  The  boss  driver's  wages  in  this  case  were  $85  per 
month.     We  have  then: 

14  mules  245  days  at  $0.50 $1,715 

6  drivers  245  days  at  J2.80    4,116 

1  boss  driver  12  months  at  $85  1,020 

Total    $6,851 

/ 

The  total  tonnage  hauled  being  367,500  tons,  we  have  by  divid- 
ing this  sum  into  the  above  totals  the  following  costs  per  ton 
hauled : 

Depreciation  and  interest  on  plant  0.20  ct. 

Labor  and  keep  of  mules  1.86  ct. 

Total  per  ton  '.    2.06  ct. 

Cost  of  Electrie  Haulage.  Compared  with  mule  haulage  the 
investment  in  "  plant "  for  electric  haulage  is  high.  The  fol- 
lowing are  the  figures: 

Bngine,  locomotive,   boiler  and  generator    $  9,000 

Switches,  insulators  and  wire  1,200 

Cost  of  erecting,   etc 1,000 

Total $11,200 

The  interest  on  investment  and  the  cost  of  repairs  and  de- 
preciation are  as  follows: 

Interest  on  $11,200  at  6% *    672 

Depreciation,  <)n  boilers,  engines,  etc.,  at  9%  810 

Depreciation  oh  switches,  wires,  etc.,   at  5%   110 

Kepairs  on  boilers,  Engines,  etc.,  at  9%  810 

Bepairs  on, switches,  wires,  etc.,  at  5%   110 

Total •■■    $2,612 

The  cost  of  labor  a^id  supplies  are  figured  as  follows: 

Engineman  at  $75  per  month  $    900.00 

Fireman  at  $85  per  month  1,020.00 

Motorman  at  $2.80  per  day  ■■         686.00 

Nipper  on  motor  at  $1:50  per  day  ?Sl„X 

-  Oil  and  waste    ■ ••         100.00 

Sand    : 50.00 

Total $3,123.50 

The  total  is  too  small  by  the  amount  of  the  cost  of  coal  re- 
quired to  "run  the  boilers.     In  reply  to  a  letter,  calling  the  omis- 
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sion  ttf  Mr.  Murray's  attentioDj  we  are  informed' that  the  tost 
of  thte  coal'  eonsuihed  must  be  charged  to  seye)''al '  items  of  work, 
Such'  as  pumps  afid  fans,  as  well'  'sLs  to  hauligej'aiid  that' "  after 
considering  the  cost  of  coal  consumed  the  advailtage  is  in' favor 
Of'  the  locomotive."  ^^ing  the  figures  as  they  stand  and  di- 
viding 367,500  tons  into  the  totals,  we  have  the  following  costs 
per  ton  hauled:  ' 

Depreciation,'  interest  and ■  repairs^  ^.^.j;; 0.68  ct. 

Labor  and " supplies' '...■. ;•'■[■■•• • 0.85  et. 

Total     1.53  ct. 

Comparison  of  Costs.  A  comparison  of  the  two  methods  of 
haulsige'  on  the  basis  of'  cost  per  ton  hauled  gives  according  to'  the 
above  figures  the'  following: 

Mule  haulage,   ct.  per  ton 2.06' 

Electric  haulage,  ct.  per  ton   i  j  ...;...■;:*.... 1.53 

Difference  in  favor  of  electricity  0.53 

This  difTej-erice  would  be  somewhat  less.,  it  is  to  be  noted,  were 
the  cost  of  fuel  charged  into '  the '  cost  for  electric  haulage.  In 
round  figures,  the  saving  by  electric' haulage  in  place  of  mule 
haulage  is  barely  %  ct.  per  ton,  or  for  367,500  tons  a  saving  of' 
$1,837  per  year.     In  discussing  these  figures  Mr.  Murray  says: 

"  These  estimates,  taken  from  an  actual  case,  show  a  consider- 
able difference  in  favor  of  electric  haulage.  The  cost  of  installing 
mechanical  haulage  is  greater  than  when  a  mine  is  supplied  with 
mules;  however,  when  we  c;onsider  the  cost  of  erecting  a  stable, 
and  the  great  loss  due  to  mules  killed  in  accidents,  the  initial 
expenditure  is  not  so  favorable  to  the  use  of  mules. 

"  The  chief  advantage  in  using  mules  lies  in  the  fact  that  the 
mule  can  enter  any  portion  of  the  mine  unhindered,  while  the 
locomotive  cannot  leave  the  trolley.  Another  i  fapt  worthy  of 
consideration  is  the  difference'  in  weight  of  the  rails  that  may  be 
used  in  each  system;  by  mule  power,  steel  as  light  as  16  lb.  can 
be  used,  while  iij  other  systems  it  is  not  advisable  to  lay  less  than 
35-lb.  rails.  Also  with  locomotives  an  additional  expanse  must 
be  incurred,  in  bonding  the  rails. 

Central-Control,  Electrical  Car  Haulage.  Engineering, and  Con- 
tractingi  May  18,  1910,  gives  the  fpUowing:,  "'' 

A  considerable  part  of  the  clay  excavated  from  the  North  Shore 
Drainage  Canal,  Chicago,  'Will  in  time  be  used  by  the  National 
Brick  Co.:  for  making  brick.  This  company  has  the  contract  to 
remove  the,  spoil  banks  for  a  part  of  the  canal  through  the  city 
of  Evainston,  111.,  and  also  has  a  contract  for  excavating  another 
part  of  the  canal  knowii  as  Section  8A.     At  present'  the  work  of 
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excavation  is  going  on' at  a  rate  required  by  the  brick  company 
to  (obtain  only  as  much  clay, as  it  uses  for  the  manufacture  of 
brick.  After  the  canal  is  completed  the  cpmpany  will  concern 
itself  with  tlie  removal  of  the; spoil  banks  left  on  other  sections. 

For  the  work  of  excavation  proper,  tvt'o  7ft-toii  jsteanj  shovel^, 
are  used  and  these  are  worked  side  by  side  in  the  cut  and  up 
against  the  dead  end  of  the  canal  section.  The  distinctive  feature 
of  the  plant  is  that  the  clay  is  hauled  by  motor-driven  dump  cars, 
moving  in  a  continuous  circuit  and  operated  by  a .  central-control 
electric  haulage  system.  Car  movements  are  controlled,  lexcepj;. 
during  dninping,  by  one  man  located  in  a  tower  in  such  a,  posi- 
tion as  to  command  a  general  view  of  the  worlt.  .  This  is  one  of 
the  first  applications'  of  this  system  on  contract  work.  It  is 
claimed  that  the  cost  is  not  more  than  that  of  a  haulage  system 
of  equal  capacity  equipped  with  locomotives  (which  fatter  would 
require  at  least  three  times  the  number  of  cars),  while  the  cost 
of  operation  is  materially  lower  than  that  for  ihe  locomotive 
haulage  system.  The  equipment  for  this  work  consists  of  a 
power  plant,  10  cars,  and  about  a  mile  of  narrow-gage  track. 

The  power  plant  consists  of.  a  55-KW,  generator  belted  to  a 
60-hp.  engine.  -  This  plant  supplies  current,  for  lights  and  for 
-power.  The  current  is  carried  on  ai  third  rail,  p^  12  lb.  section, 
which  is  placed  in  the  center  of  the  track.  The  tracks  are  of 
30-lb.  rail  and  3rft.  gage. 

The  cars  are  of  3  cu.  yd.  capacity  and, their  weight,  when  empty, 
is  about  4,400  lb.  Each  car  is  equipped  with  a  single  motor  of 
about  12  hp.  capacity  and  with,  contact  shoes  taking  current  from 
the  third  rail.  The  motors  are  of  special . design,  and  each  has  in 
connection  with  it  a  solonoid  brake  which  forms  a  part  of  the 
electric  control  system.  The  brakes  and  controlling  mechanism 
are 'operated  by  current  taken  from  the  third  r,ail  at  a  reducid 
voltage  from  that  for  normal  propulsion.    ,  . 

The  track  arrangement  on  which  i  theses  cars  are  operated  is 
merely  a  double  track  with  a  cross-over,  at  each  end.  At  the 
loading  end  the  track  ends  in  a  30-ft.,  stub  lying  betjveen  the 
steam  shovels.  The  loaded  cars  pass  from  here  for  a  short  dis- 
tance on  level  grade,  but  in  rising  out  pf  the  canal  cut  i  the  track 
is  on  a  temporary  trestle  laid  at  a  12%  grade..  The  tracks  pass 
along  the  bank  of  the  canal,  to  the  brickyard  and  up  again  onto  a 
trestle,  where  they  are  dumped  by  hand.        , ,  , 

•The  novel  feature  of  the  haulage,  system  i^  the  cpntrdl  of  all 
the  cars,  by  one  man  from  a  central  point.  The  control  of  the 
cars  consists  of  starting  them  from  the  shovel,  .bringing  them  up 
the  incliifie  and  along  the  top  of  the  canal  bank  to  the  dumping 
platform  and  starting  them  on  their  downward  trip.     In  case  of 
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emergency  a  car  may  be  stopped  or  started  on  any  portion  of 
the  track,  but  ordinarily  the  operation  is  continuous.  Upon  the 
down-grades  the  car  is  automatically  governed  as  to  speed,  usu- 
ally requiring  no  attention  from  the  operator.  The  car  by  its 
momentum,  on  down-grade,  becomes  its  own  motive  power  and 
the  motor  beeoHies  a  generator.  The  motors  are  series  wound  and 
it  is  only  necessary  to  reverse  the  armature  connection  to  make 
'them  act  as  generators.  A  certain  amount  of  resistance  is 
mounted  upon  the  ear  and  so  adjusted  as  to  form  sufficient  elec- 
trical load  upon  the  motor,  working  as  a  generator,  to  hold  the 
car  to  a  certain  calculated  speed.  This  operation  forms  the 
"  dynamic  brake  "  and  will  never  allow  a  car  under  any  condi-. 
tion  to  attain  a  greater  speed  on  down-grade  than  this  set  speed. 
The  conductor  rail  is  divided  into  sections  ( separated  by  insulated 
joints),  each  section  having  independent  connection  with  the 
controlling  apparatus  at  the  tower,  or  control  station.  Thus 
the  cars  on  each  section  can  be  controlled  independently  of  those 
on  any  otlier  section.  With  more  than  one  car  on  a  section, 
however,  all  these  cars  are  controlled  as  a  unit.  It  is  the  duty 
of  the  tower  man  to  keep  the  shovels  supplied  with  an  empty  car 
at  all  times  and  so  to  distribute  the  empty  cars  on  their  return 
to  the  shovels  that  there  will  be  continuous  operation  without 
"  bunching  "  the  cars. 

The  advantage  of  the  operation  of  individual  cars  over  that 
of  trains  is  quite  apparent.  When  one  car  is  loaded  it  is  not 
compelled  to  wait  for  the  other  cars  to  be  loaded,  as  is  the, 
case  where  cars  are  hauled  in  trains.  A  ear  loaded  at  the  shovel 
will  be  1,000  ft.  on  its  way  before  the  next  ear  is  loaded.  This 
makes  it  possible  to  keep  all  the  cars  working  all  the  time  and 
avoids  keeping  more  than  one  car  waiting  for  loading  or  un- 
loading at  any  one  time.  It  is  claimed  that  this  system  operates 
with  only  one-third  of.  the  cars  required  when  trains  are  used. 
Another  advantage  is  that  these  ears,  on  account  of  their  light 
weight  as  compared  to  a  dinky  engine  required  for  a  train,  do 
not  require  as  heavy  rails  nor  so  much  labor  to  keep  tracks  in 
condition  and  ballasted  as  is  required  where  engines,  are  used. 

The  outlay  for  this  equipment  was  about  $28,000.  During  the 
first  year  the  maintenance  cost  was  abnormally  high,  due  to 
the  fact  that  no  electrical  man  had  been  employed  to  look  after 
the  equipment.  During  -the  second  year,  however,  a  careful  cost 
was  kept  on  the  maintenance  and  the  cost  given  amounted  to 
$505  for  the  entire  year.  The  system  used  is-  the  invention  of 
Mr.  F.  E.  Woodford,  President  Woodford  Engineering  Co.,  Chi- 
cago, 111. 

Cars  Hauled  by  Cables.     {Engineering  News,  May  21,  1903.) 
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On  parts  of  the  work  of  constructing  the  P.  C,  &  VV.  R.  R.  in 
Ohio,  the  dump  cars  were-hauled  by  cables  from  a  hoisting  engine. 
On  one  section  four  3-yd.  dump  cars,  weighing  empty  2,500  lb. 
each,  were  pulled  by  a  cable  from  a  hoisting  engine  on  the  bank 
above  and  ahead  of  the  shovel.  The  cars  coasted  down  to  the 
dump  by  gravity  and  were  hauled  a  short  distance  to  the  trestle 
by  a  team.  Much  time  would  have  been  saved  had  a,  double 
drum  engine,  two  cables,  two  traiivs,  and  a  switch  been  provided. 
On  another  section  where  the  haul  was  1,600  ft.,  one  hoist  was 
located  above  the  shovel  "and  the  other  one  half  way  down  the 
hill  to  the  dump.  Snubbing  posts  were  used  to  guide  the  cable 
around  curves./  Two  trains  of  4  cars  each  kept  the  shovel  busy, 
the  waiting  time  which  the  loaded  cars  were  being  replaced 
by  empties  at  the  shovel  being  about  2  min. 


mob" 


Fig.  10.     Tramming'  System  in  Use  at  One  of  the  Shale  Pits  of 
the  Purington  Brick  Co. 


TTamming  System  Used  in  a  Shala  'Pit.  According  to  Engi- 
neering-Contracting,  Mar.,  1906,  a  highly  economical  tramminjg 
system  for  steam  shovel  work  has  been  in  use  at  Galesburg,  111., 
in  one  of  the  shale  pits  of  the  Purington  Paving  Brick  Co. 

In  this  work  the  dinkey  locomotive  occupies  a  position  inter- 
mediate between  two  trains  of  cars  whicji  deliver  two  ways  to  the 
bottom  of  two  machines  leading  to  the  hoppers  of  the  clay  ma- 
chine at  each  end  of  the  pit.  The  cars  are  of  2  cu.  yd.  capacity 
each,  and  the  locomotive  keeps  20  of  these  going,  tramming  them 
alternately  in  teams  of  six  and  four  cars  two  ways  to  the  ends 
of  the  pit,  whence  they  are  hauled,  two  at  a  time,  to  the  hop- 
pers. When  empty  the  cars  run  down  by  gravity  and  are 
switched  automatically  to  the  empty  track. 
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Spotting  Gars.  A  device  shown  in  Fig.  1 1  is  used  to  haul  cars 
into  position  at  the  shovel.  This  consists  of  a  long  cylinder  and 
piston  into  which  exhaust  steam  is  admitted.  The,  amount  of 
steam  and  time  consumed  in  moving  cars  a  short  distance,  from 
5  to  7  ft.,  with  this  device  is  so  small  as  to  be  negligible.' 


Pig.   11.    Device  Used  for   Spotting   Cars. 


Steam  Shovel  Work.  A  90-ton  Marion  steam  shovel,  of  5  cu. 
yd.  dipper  capacity,  but  fitted  with  a  2  cu.  yi.  capacity  dipper 
was  used.  With  this,  digging  from  a  50  ft.  bank  an  average 
of  17,422  cu.  yd.  of  shale  was  handled  per  month  of  26  9-hr. 
days,_pr  670  cu.  yd.  per  day.  It  is  estimated  that  this  is  less 
than  one-half  the  amount  that  could  be  handled  were  the  shovel 
digging  loose  gravel.  As  it  is,  the  shovel  is  digging  only  one- 
third,  bf  the  time,  The,  material  was  delivered  to  twenty  2-cu.  yd. 
cars,  trammed  two  ways,  1,500  ft.  and,  2,000  ft.  respectively,  to 
bottom  of  two  inclines,  and  then  hoisted  by  cable  to  an  elevation 
of  20  ft.  above  the  track  and,  dumped  into  the  hpppers  of  the 
machines. 

The  cost  per  month  of  26  working  days  of  9  hr.  each  for  the 
steam  shovel  work  is  shown  in  the  following  table : 

1  engineman    ,., $110.00 

1  crane  man 85.00 

1  fireman,  22  ct.  per  hr 52.65 

3  track  men   (shovel) ,  17%  ct.  per  hr 128.85 

1  locomotive  engineman   , 80.00 

1  Bwilchman,   20  ct.  per  hr 46.80 

*2  hoistmen,  2Q  ct.  per  hr 93.60 

39  tons  coal,   for  shovel,  $2 78.00 

13  toils  coal    (locomotive),  fi   26.00 

26  tons  coal   (hoist),  |2   52.00 

Total  per  month    1752.90 

*  Hoistmen  dump  the  cars.  ' 
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"As  17,422  cu.  yd.  of  shale  were  handled  per  month,  the  labor 
and  fuel  cost  per  cu.  yd.  was  4.3  ct.  The  charges  for  superin- 
tendence, oil,  waste  and  incidentals  are  not  included  in  the 
above  estimate;  adding  these  the  cost  per  cu.  yd.  amounts  to 
practically  5  ct. 

A  Cable  Haulage  Plant.  In  Engifneering  News,'  Jan.  21, 
1'904,  is  an  article  describing  the  plant  of  the  Bronson  Portland 
Cement '  Co.  in  detail.  ' 
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Fig.  12.    ,Sketch  Showing  Track  Arrangement  at  Mills. 

The  marl  used  in  the  manufacture  of  the  cement  is  dredged 
from  under  water  by  a  dipper  dredge,  equipped  with  a  I'/^-yd. 
bucket  and  digging  to  depths  of  30  ft.  The  dredge  loads  directly 
into  cars.  These  oars  were  formerly  drawn  by  horses  but  the 
increased  capacity  of  the  plant  required  a  more  rapid  method  of 
transportation.  As  the  marsh  was  overlaid  by  a  2  to  5-ft.  layer 
of  unstable  muck  the  use  of  heavy  engines  was  impracticable, 
80  a  cable  haulage  system  was  installed. 


Fig.   13. 


Sketch  Showing  Manner  of  Carrying  Haulage  Rope 
Around  Curves. 


The  1%-yd.  steel  dump  cars  are  hauled  in  trains  of  ten  or 
Inbre,  being  "  spotted  "  from  the  engine  room  in  accordance  with 
signals  by  rope  and  bell  made  by  a  trip  rider.  Fig.  12, shows 
the  arrangement  of  the  tracks  and  Fig.  13  the  method  used  in 
carrying  the  haulage  cable  around  the  curve. 

The  full  width  of  the  dredge  cut  is  excavated  on  one  side,  the 
track  being  laid  as  the  cutting  proceeds.^    Then  the  full  widtlj.  is 
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excavated  on  the  other  side,,-  Finally,  by  means.,  of,  a  flpat  or 
barge  made  of  oil  barrels  to  hold,  the  empty  cars,  the  space  where 
the  track  was  laid  ;  is  excavated,  taking  all  the  .territory '  an 
entire  width  of  175  ft.  for  ea,ch  tracjs.         ,      ;,  ,!       ■ 

The  hauling  engine  is  a  double  10-  x  16-in.  cylinder,  engine. 
The  rails  weigh  35  lb.  per  yd.  and  arf^  l^id  on  8-ft._pedar,  or  tam- 
arack ties.  ,  The  haulage  .cable  js,  of,  %-in.  plow  stpel,  the  ^Pi}il 
rope  being  5,500  ft.  long,  and  the  tail  rope,,l,ipo  ft.  long.  ,A^ 
may  be  seen,  the  track  leads  up  a  trestle  inclined  at  a  grade 
of  6.37°  to  the  mill.  At  the  top  is  a  track  large  enough  for 
12  cars,  descending  at  a  1%  grade  into  the  building.  Alongside 
this  is  a.  side  track  for  empties.  The  cars  are  drawn  into  the 
building  by  a  separate  tail  rope  cable.  When  the  cars  reach 
a  point  directly  above  the  bins,  the  tail  rope  is  quickly  disen- 
gaged and  immediately  attached  to  the  empty  train,  the  short  tail 
rcfpe  cable  being  attached  at  the  same  time.  The  haulage  rope 
is  likewise  transferred,  and  the  empties  are  pulled  out  without^ 
delay.  The  loaded  cars  are  dumped  by  two  men,  and  the  cars 
washed  out  with  a  jet  or  hose.  These  cars  after  being  dumped 
are  hauled  to  the  siding  by  passing  the  rear  short  cable  around 
£1  sheave  on  the  side  track. 

The  force  required  is  as  follows:  Dredge,  3  men;  triji 'rider,  1; 
track  cleaner,  1;  dump-men,  2.  An  average  of  1%  men  in  addi- 
tion is  required  for  laying  and  removing  track.  Ten  cars  are 
loaded  in  from  6  to  10  min.,  and  a  round  trip  about  6  min.  The 
output  is  about  30  cars  or  50  cii.  yd.  per  hr.  More  thain  60,000 
cars   were   delivered   in   8    months. 

life  of  Cable  on  an  Engine  Incline.  The  life  of  a  %'m.  wire 
cable  used  to  haul  cars  on  ah  incline  operated  in  coniiection  with 
steam  shovels  on  the  Chicago  Main  Drainage  Canal  was  150,000 
cu.  yd.  of  solid  rock,^  ears  being  hauled "350  ft.  horizontally  and 
60  ft.  vertically.  Details  of  the  methods  and  cost  of  that  work 
are  given  in  Chapter  XVI  of  Gillette's  "  Rock  Excavation." 

Flat  Car  Unloaders.  Flat  cars  are  ordinaijly  uliloaded  with 
an  unloading  plow  designed  for  the  purpose.  The  car  carrying 
the  plow  or  scraper, is  attached  to  the  rear  of  the, ".mud  train" 
of  10  to  30'  cars.  One  end  of  a  1%-in.  wire  cable  is  hooked  to  the 
plow  and  the  other  end,  which  is  attached  to  an  ordinary  car 
Coupling  link,  is  coupled  to' a  car  or  to  the  engine.  Usually  this 
cable  is  400  ft.  long  and  extends  over  12  cars.  The  brakes  on 
all  these^l2  cars  are  set  tight,  and  the  engine  is,  started; ,  with 
the' forward  cars  if  there  are  more  than  12  in  the  train.  If  the 
rear  12  cars  are  pulled  along,  blocks  are  laid  on  the  track  to  hold 
them,  or  a  few  cars  may  be  chained  to  the  track.  The  engine 
moVes  ahead  at--*' rate  of  2  or  3  miles  an  hour,'  until  .the  plow 
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has  traveled  the  length  of  the  12  cars,  and  the  material  is  thus 
scraped  off  the  side  of  the  cars.  The  engine  is  backed  up  a  few 
feet,  when  4  to  6  men  throw  the  cable  oflf  to  one  side.  Then  the 
remaining  full  cars  are  backed  up  to  the  last  half  empty  car 
where  the  plow  is,  the  cable  is  coupled  to  the  engine  and  the  plow 
pulled  forward  as  before.  The  plow  is  left  on  the  last  car-  which 
is  unloaded  by  the  next  train.  The  time  of  unloading  is  10  to 
30  min.,  average  20  min.,  the  engine  doing  as  much  in  that  time 
as  8  or  10  men  would  do  in  a  day.  > 

When  unloading  on  curves  the  time  is  longer,  for  snatch  blocks 
must  be  used  to  keep  the  -cable  on  the   cars.     A  snatch  block 


Fig.   14.     Side  Unloader.     Made  by  Marion  Steam  Shovel  Co., 
Marion,  Ohio. 


every  third  car  is  generally  enough.  The  cable  passes  over  the 
snatch  block  sheave,  and  the  block  is  held  with  ^  chain  passing 
over  the  side  of  the  car,  and  fastened  to  the  bolster  or  arch  bar 
of  the  car.  When  the  plow  reaches  a  snatch  block  it  must  be 
stopped,  the  block  and  chain  being  removed  and  carried  forward. 
Unloading  this  way  takes  about  twice  as  long  as  on  straight 
track. 

When  much  material  is  to  be  handled  on  fla.t  cars,  two  things 
should  be  done ;  ( 1 )  the  cars  should  all  be  rigged  with  hinged 
sideboards  that  can  be  dropped  down  when  unloading,  for  then 
a  car  will  carry  14  cu.  yd.;  (2)  and  a  hoisting  engine  shov.ld  be 
rigged  upon  a  car  by  itself  for  the  purpose  of.  pulling  the  plow 
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cable  instead  of  using  the  locomotive  for  thkt  purpose.  A  10-  x  12- 
in.  double  cylinder  engine  with  a  1-in.  cable  for '  loose  gra'vel, 
1^-in.  for  heavier  material,  will  imload  a  train  of  cars  often 
in  half  the  time  takeii  by  locoinotivea,  since  the  cars  need  not  be 
blocked  or  chained  to  the  track,  and  there  is  little  danger  of 
breaking  the  cable  as  often  happens  where  a  locomotive  puUa 
the  plow.  Fur thermorei  since  this  unloading  engine  on  its  car 
is  a  part  of  the  "mud  train,"  it  can- do  the  unloading  while  the 
whole  train  is  moving  ahead,  and  thus  spread  the  material  along 
a  greater  length  of  track. 


Fig.  15.     Center  tJnloader.     Made  by  Marion  Steam  Shovel  Co., 
Marion,  Ohio. 

After  the  material  is  unloaded  by  a  plow  alongside  a  track  it 
can  be  most  economically  spread  with  "a  leveler  or  spreader. 
This  spreader  is  a  car  provided  with  projecting  side  wings  which 
can  be  raised  by  a  winch  when  not  in  use. 

The  spreader  car  is  loaded  with  5  to  15  tons  of  scrap  to  hold 
it  to  its  work,  and  moves  at  6  to  10  miles  per  hr.,  thus  leveling 
off  a  ridge  a  mile  long  in  6  to  10  min.  Ordinarily  the  spreading 
is  done  by  the  last  irain  before  the  close  of  the  day,  but  in 
freezing  weather  spreading;  must  be  done  oftener. 

Hauling  and  TTnloading  on  the  Panama  Canal.  In  1908,  ac- 
cording to  Engineering  and  Contracting,  Aug.  26,  1908,  the  Pan- 
ama Cdnal  Commission  had  27  unloading  plo\ys  in  use.  These 
were  of  the  right  hand,  left  hand,  and  center  dump,  types.  Used 
in  connection  with  them  were  18  Lidgerwood  unloaders. 
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Prom  the  Cule'bra  Cut  to  tlie  Tabervilla  dump,  trains  of  17 
cars  were  used  to  carry  earth  and  rock.  These  trains  were 
loaded  under  the  shovel  and  carried  directly  to  the  dump  without 
being  made  up  a  seqond  time,  the  distance  being  16  miles.  On 
June  23,  54  of  these  trains  were  unloaded  by  four  unloaders  in 
8  hr.,  handling  a  total  of  17,280  cu.  yd.  This  is  at  the  rate  of 
4,320  cu.  yd.  per  machine,  being  540  cu.  yd.  handled  per  hr. 
for  each  machine. 

The  canal  comjnissioij  used  four  styles  and  sizes  of  cars:'  The 
large  Lidgerwood  flats,  20- yd.  Western  sid,e  dumps,  12-yd.  Western 
and  Oliver  side  dumps  and  the  old  French  0-yd.  dump  cars.  The 
Culebra  or  Central  division  iu_  order  to  reduce  their  loads  to 
place  measurenieiit  allowed  the  following  loads  per  car: 

Lidger\vood  flats,  20  cu.  yd. 

20-yd.  Western  dumps,  17-.  cu.  yd. 

12-yd.  Western  and  Oliver  dumps,  10  cu.  yd. 

6-yd.  French  dumps,  5-cu.  yd. 

One  train  majde  up  of  l^-yd.  Western  dump  cars  hauling  from 
Gulebra  to  Mamei  dump,  nine  miles,  leaded,  hauled  and  dumped 
294  cars  in  6  days,  being  3,528  cu.  yd. ,  loose  measurement  or 
2,940  cu.  yd.  place  measjj|"enient.  This  meant  ,490  cu.  yd.  place 
measurement  handled  by  this  train  a  day.  This  was  the  highest 
record  made  by  'a  train  using  these  cars  and  running  to  this 
dump, ;  With  a  train  made  up  of  12  cars,  this  meant  4  round 
trips  per  day,  or  a  distance  of  72  miles  traveled  in  8  hr.  by  tJis 
train.  The  efficiency  of  the  larger  cars  is  shown  by  the  fact  that 
a  train  of  24-yd.  flat  cars,  making  a  haul  of  16  miles,  carried 
to.  the  dump  960  cu.  yd.  pjace  measurement  per  day,  as  compared 
to  490  cu.  yd.  place  measure^nent  with  12-yd.  cars  on  a  nine  mile 
ha;ul.  , 

Uethods  of  Handling  TTnloader  Plow  Cabla's.  In  The  Rose 
fechmo,  Oct.,  1903,  Wm.  S.  Hawley  has  an  article  on  grading 
railroads  which  contains  a  description  of  a.  method  used  for  un- 
reeling an  unloader  plow  cable.   ^ 

A  Lidgerwodd  unloader  engine  operated  the  1%-in.  plow  cable. 
This  was  long  enough  to  stretch  over  30  cars.  To  unreel  the 
cable  its  epd  was  attached  to  a  chain  stretched  acioss  the  track 
between  two  piles.  These  two  piles  were  driven  about  14  ft. 
center ,  to  center,  one  on  each  side  of  the  track,  with  their  tops 
about  8  ft.  above  the  rails.  A  short  length  of  chain,  the  ends  of 
which,  were  hooked  together  when  the  cable  was  ready  to  be  un- 
reeled, was  fastened  to  each  pile.  After  the  cable  had  been  fas- 
tened to  the  chains  the  train  moved  forward,  thereby  pulling  it 

out.  .  I  '  ,  •  ,  ,  y 

The  cars  held   12  cu.  yd.  each,  and  there  were   15  cars  in  a 
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train.  Each  car  had  a  wooden  apron,  one  end  of  which  rested 
on  the  next  car,  thus  forming  a  continuous  floor  over  which 
the  ploAv  traveled.  The  material,  after  being  dumped,  was  leveled 
by  a  spreader  with  air-operated  wings.  This  machine  leveled  to 
a  distance  of  18  ft.  from  the  center  of  the  track. 

In  Engineering  Record,  Feb.  17,  1900,  the  construction  of  the 
Jerome  Park  Reservoir  is  described.  A  50-hp.  engine  operated  a 
Li,dgerwood  plow  used  for  unloading  the  cars.  The  train  gener- 
ally consisted  of  a  flat  car  carrying  a  Lidgerwood  unloader  en- 
gine, followed  by  an  empty  car  at  the  front  end,  after  which  came 
12  cars  holding  120,  tons  of  rock  or  earth,  and  finally  at  the 
rear  end,  a  flat  car  carrying  the  plow.  _  The  train  was  drawn 
onto  one  of  five  parallel  tracks  which  were  spanned  by  a  wire 
cable  stretching  between  the  tops  of  two  30-ft.  posts  guyed 
to  deadmen.  A  second  and  parallel  cable  was  stretched  5  ft. 
below  the  tops  of  the  posts,  and  the  two  cables  were  connected 
by  vertical  ropes  to  the  center  of  the  track.  Another  short 
manila  rope  with  a  loop  at  its  lower  end  was  attached  to  each 
vertical  tie.  When  the  drum  of  rope  on  the  car  reached  a  point 
beneath  the  cable  the  end  of  the  plow  rope  was  hooked  on  to  the 
manila  rope,  the  train  moved  forward,  and  when  the  plow  reached 
the  same  point,  the  cable  was  detached  from  the  loop  and  at- 
tached to  the  plow.  The  plow  was  then  drawn  forward  until 
it .  reached  the  empty  car  in  the  rear  of  the  unloader.  The  12 
cars  were  unloaded  by  this  method  in  about  5  min. 

Recommendations  for  tTsing  Cars  on  Steam  Shovel  Work.  En- 
gineering and  Contracting,  May  1,  1907,  gives  the  following^ 

In  the  report  of  the  Committee  on  Roadway,  of  the  American 
Railway  Engineering  and  Maintenance  of  Way  Association,  the 
following  questions  were  asked  and  answered.  Botv  many  Pit- 
menf  From  three  to  eight  are  recommended;  but  under  ordinary 
circumstances  the  committee  recommends  four  men. 

Would  it  be  advisable  to  have  shovel  made  to  siding  hack  of  the 
jack  arm  so  that  cars  can  be  loaded  in  tunnel  or  rock  work  where 
entrance  is  narrow  and  cars  cannot  be  pulled  beyond  shovelf  Re- 
plies in  favor,  13;  against,  23. 

f'orm  of  Shovel  Track.  "  T  "  rails  on  ties  are  mentioned  by  12 
members,  chain  rails  are  mentioned  by  5  members,  rails  on 
stringers  are  mentioned  by  two  members.  The  comrnitte  recom- 
mends "  T  "  rails  on  ties. 

Length  of  Pieces  for  Ordinary  Work.  The  replies  vary  from  3i^ 
to  6  ft.     The  committee  recommends  6  ft. 

What  Form  of  Joint.  The  replies  are  as  follows,  viz. :  Strap, 
27;  chair,  "5;  lap,  2;  link  and  pin,  1;  hasp,  1;  U-bolt,  1.  The 
committee  recominends  strap  joints. 
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^  What  Oage  of  Track  for  Dump  Carsf     Standard,  32;  narrow, 
3.     The  committee  recommends  standard. 

WJMt  style  and  capacity  of  cars,  namely,  dump  cars,  flat  cars, 
ears  with  sides  for  plows  and  unloaders  or  other  special  forms, 
would  you  .prefer  for  the  following  kinds  of  work?  (1)  Cut 
under  6  ft.,  haul  less  than  one  mile:  Replies  to  circular  letter 
all,  except  one,  favor  the  ordinary  Contractors'  Dump  Cars,  with 
varying  capacities.  The  committee  recommends  6-cu.  yd.  dump 
cars.  (2)  Cut  under  6  ft.,  haul  one  to  six  miles:  6  members 
favor  5-yd.  dump  cars,  2  members  favor  12-yd.  dump  car,  3  mem- 
bers favor  standard  flat  car,  9  members  favor  standard  car,  with 
permanent  sides.  The  committee  recommends  standard  car  with 
■permanent  sides  with  swinging  hinged  doors  and  cars  connected 
by  aprons.  (3)  Cut  under  6  ft.,  haul  six  miles  or  over:  7-yd. 
dump  car  is  recommended  by  5  members,  30-yd,  dump  car  is  rec- 
ommended by  1  member,  standard  flat  car  is  recommended  by 
14  members,  car  with  permanent '  sides  is  recommended  by  .10 
members.  The  committee  recommends  same  car  as  given  in  con- 
nection with  (2).  (4),  Cut  over  6  ft.,  haul  not  less  than  one 
mile:  9  members  favor  5-yd.  dump  car,  3  members  favor  12-yd. 
dump  car,  1  member-  favors  15-yd.  dump  car,  9  members  favor 
standard  flat  car,  10  menibers  favor  standard  car  With  per- 
manent sides.  The  comnjittee  recommends  6-yd.  dump  par.  (5) 
Cut  over  6  ft.,  haul  one  to  six  miles:  Replies  received  all,  ex- 
cept one,  iavor  either  standard  flat  car  or  standard  car  with 
permanent  sides.  The  committee  recommends  car  described  un- 
der ( 2 ) .  Cut  over  6  ft.,  haul  over  six  miles :  8  replies  favor 
dump  cars  varying  from  5  yd.  to  30  yd.  capacity;  12  are  in 
favor  of  standard  flat  car  and  9  recommend  standard  car  with 
permanent  sides.  The  committee  recommends  car  described 
under   (2). 

,  The  committee  recognizes  the  fact  that  the  standard  com- 
mercial flat  car  must  frequently  be  used,  and  when  this  is  neces- 
sary, especial  care  should  be  taken  to  cover  certain  important 
matters:  (1)  See  that  the  car  is  strong  enough  for  the  pur- 
pose. (2)  Note  that  brake- wheels  are  in  good  condition,  and  in 
case  material  is  to  be  plowed  off,  these  must  be  placed  at  side 
of  car.  (3)  Care  should  be  taken  that  stake  pockets  are  in 
good  condition  and  not  spaced  too  far  apart.  Four  feet  apart 
in  center  of  car  and  closer  at  ends  is  considered  good  practice. 
(4)  See  that  the  stakes  are  strong  enough  to  prevent  accident  or 
derailment  of  plow. 

Where  dirt  is  dumped  from  trestle  in,  fill  for  haul  less  than 
two  miles,  would  you  use  light  cars  and  light  trestle  or  heavy 
cars  and  strong  trestle?    15  replies  favor  light  cars  and  trestles, 
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12  replies  favor  heavy  cars  atld>  trestles.  The  committee  recom- 
mends light  cars  and  light  trestles!  ' 

Has  your- experience  ivith  unloading  plows,  using  cable,  been 
satisfactory?    31  ayes,  6  noes. 

■  Would  you  handle  cable  by  locomotive  or  an  auxiliary  engine 
and  drum,  and  if  the  latter,  give  kind  and  size?  3  meihhers 
recommend  locomotive  and  32  auxiliary  engine.  Sizes  of  driim 
vary  from  3  ft.  to  5  ft.,  two  members  recommending  each  3  ft., 
4  ft.  and  5  ft.  sizes,  one  inember  Si^  it.  and  one  other  f^  ft. 
Engines  are  mentioned  as  10x12  and  12x12,  60-t6n  and  25  hp. 
The  committee  recommends  handling  cable  with  an  auxiliary 
engine  and  drum.  The  machine  should  be  able  to  develop  60-ton 
pull  -and  will  weigh  abdut  28  toris.  Steam  cylinders  12x12 
in.,  and  dianieter  of  drum,  4%  ft.,  which  will  permit  four  wraps 
of  1%  cable  to  be  made. 

When  raising  track  do  you  prefer  center  plow  for  unloading 
or  two  side  plows  used  alternately?  29  replies  recommended 
center  plow  and  6  the  use  of  side  plows.  The  committee  recom- 
mends that  when  raise  is  light,  the  cdnter  plow  be  used,  but 
that  side  plows  are  more  adVantfageous  in  making  heavy  fills.: 

Has  your  experience  with  reversible  plow  been  satisfactory? 
Ayes,  1;  noes,  1'2.     The  committee  does  not  favor  its  use.      ' 

The  Iloyd  TTnloading  Machine.  This  device,  described  in  En- 
gineering and  Contracting,  Oct.  2,  1907,  is  used  for  filling  high 
embankments  from  dump  cars.  TKe  general  arrangement,  Figs. 
16  and  17,  consists  of  a  circular  track  at  the  head  of  the  bank, 
around  which  the  cars  are  operated  by  a  cable  and  from  which 
they  are  dumped.  From  the  center  of  the  unloader  radiate  large 
timbers  which  support  the  track,  and  which  rest  on  iron  rollers 
placed  several  feet  apart  and  riding  Cpon  wooden  sills  on  the 
top  of  the  bank.  At  the  center  is  a  mast  from  the  top  of 
which  steel  rods  support  the  ends  of  the  radial  timbers.  Near 
the  mast  is  a  hoisting  engine  which  operates  the  cable  for  haul- 
ing the  cars.  After  the  train  has  been  uncoupled  from  the  loco- 
motive, and  hitched  to  the  cable  it  is  pulled  around  the  track 
and  dumped,  while  in  motion.  Material  can  be  dumped  at  any 
point  either  inside  or  outside  njaking  it  possible  to  fill  from  40 
to  70  ft.  wide.  The  unloader  is  moved  forward  by  it^  own 
power,  10- ft.  at  a  time.  The  force  required  consists  of  engineer, 
carpenter,  and  3  laborers.  The  advantages  of  this  machine  on 
high  fills  are: 

(1)  The  dispatch  with  which  it  handles  trains;  '^ 

(2)  Low  cost  of  construction  as  compared  to  cost  of  trestle; 

(3)  Ease  of  erecting  and  dismantling. 
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Fig.  17.     General  View  of  Continuous  Car  Unloader. 


Fig.    16.     Plan    of    Continuous    Car    Unloader. 
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The  cost  of  the  machine  including  the  hoisting  engine  is  about 
$5,500.  These  machines  have  been  used  by  E.  B.  and  A.  L. 
Stone  Co.,  Contractors,  Oakland,  Cal. ' 

A  Swinging  Platform  Dump  Track.     The  device  for  making  a 
wide  fill  was  used  at  a  ,mine   in   Colorado.    A  platform  was 


.  Pig.  18.     Plan  and  Elevation  of  Swinging  Dump  Traqk. 


pivoted  to  swing  laterally  so  that  a  dump  57  ft.  wide  could  be 
built  without  shifting  the  main  track.  Two  men  moved  cars  to 
and  from  the  dump  by  hand,  and  dumped  them  at  the  rate  of  100 
per  day.     The  swinging  truck  was  composed  of  2  pieces  of  8x 


Fig.  19.    Details  of  Turntabjle  and  Truck. 

16-in.  X  32-ft.  pine  upon  which  was  laid  a  platform  of  3-in.  planks 
carrying  the  rails.  The  rear  end  was  supported  on  a  4-wheel 
truck  upon  which  it, pivoted;  the  outer  end  was  supported  upon 
wheels  travelling  upon  a  rail  of  22-ft.  radius  leaving  a  5-ft. 
overhang.     End  dump  cars  were  used. 
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Comparative  Cost  of  Handling  Earth  on  Plat  and  Dump  Cars. 
According  to  Railway  Age  Gazette,  June  18,  1915,  the  cost  of 
handling  earth  on  flat  cars  was  100%  greater  than  the  cost  of 
handling  it  on  dump  cars',  in  work  on  the  new  passenger  terminal 
and  belt  line  at  Kansas  City.  Over  2,0d0,000  cu.  yd.  of  earth 
and  rock  were  removed  and  ha,nd'led  on  flat  cars  and  on  12-yd. 
Western  air  dump  cars.  For  twri  months  the  cost  of  handling 
material  \y.ith  these  two  types  of  equipments  was  kept 'in  tv?o 
flies.  'The  material  during  these  two  months  consisted  of  approx- 
iipately  75%  solid  rock. 

The  flat  cars  were  wooden  construction,  capacities  of  60,000 
IJi.  smd  80,000  lb.,  and  had  been  in  constant  service  of  18  months 
at  the  time  this  information  was  collected.  In  justice  to  them, 
^t  should  be  said  that  the  repairs  increased  the  average  cost 
by  approximately  l.S  ct.  per  cu.  yd.  The  dump  cars  were  of 
steel  frame  construction;  of ,,80,000  lb,  capacity,  and  had  been  in 
service  5  months.  The  cost  of  engine  service  includes  the  rental 
of  the  engines  and  tlie  pay  of  the  fuel,  from  the  time  of  their 
arrival  to  the  time  of  their  departure  of  the  trains  at  the 
dump.  , 

One  great  adv£^ntage  of  the  dump  cai-s  over  the  flat  cars  was 
ijiat  it,  was  found  possible  to  unload  at  the  etid  of  a  spur  track 
pn  the  fill  successfully,  with  the  dump  cars;  while  this  could  hot 
be  done  with  the  flat  cars  and  unloader  plow,  because  the  plow 
at  f;he  end  of  the  train  occupied  a  space  of  at  least  20  ft.  Fur- 
thermore,  it 'was   impossible  to   do  little  loading   on   the   niain 

COST  'Of 'iiiNDLING  MATERIAL  ON  TLAT  AND  DUMP  CABS  FOR 
:  ■  ■      -  ,,       I  TWO  MONTHS,  .        , 

''  '  '    '  First'Month 

Flats  Dumps 

Car  repairs    .,. *  .071  J  .001 

■F.Tl(riTlP<l  082,  .U^4 

f .\ArraT-mfxnA    and    Airman UUO  .UU'l 


Lidgerwood  and  airman 005 

Labor  on  cars   ...u -027  .W» 

Labor  on  truck  , "''* 

Engineering  a,nd  superintending 
Miscellaneous   '.  i 


,004  .004 

010  .003 


Total    ; J0.282  $0,114 

, ,  Second  Month 

Flats/  Dumps 

n»T-  TPTiairB ..••■ $.070  $.007 

-  -^^sr^;^.:: ::: :: -  ^075  ^24 

ii    ...Lidgerwopd  and  airman UM  -^^ 


Labor  on  cars, 
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Miscellaneous 

Total    ......^^^; ?0-286  '"-^l^ 


finiincerini'g'and  superintending   ,004  .005 
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track  by  means  of  this  unloader  and  plow,  because  of  tlie  danger 
of  delay  of  construction ,  trains  and  traffic.  On  the  other  hand, 
trains  of  dump  cars  were  frequently  sent  out  to  unload  a  few  min- 
utes ahead  of  passenger  trains,  with  only  slight  danger  of  de- 
laying them.  -  ;  j 
.,Dumpi;ng  Cars  with  Derricks,.  {Engineering  News,  Aug.  24, 
1905.)  :  This  method  was  devised  hy  W.  J.  Newman.  The  spoil 
irom  the  Chicago  tunnel  was  delivered  in  4-cu.  yd.  capacity  cars, 
mounted  on  24-in.  gage  trucks,  by  electric  locomotives  to  the 
dump  at  Grant  Park.  Small  4-wheel  dinkeys  hauled  the  cars  to 
a  75-ton  derrick  of  40  tons  capacity,  with  a  65-ft.  boqm.  The 
bottoms  of  the  cars  were  so  arranged  that  when  released  they 
fell  clear  away  from  the  sides,  thus  presenting  no  obstacle  to  the 
drppping  of  the  sticky  clay.  A  car  body  was  lifted  by  the 
derrick,  dumped,  and  pjaced  back  on  its  u'nderframe.  Very  high 
dumps  could  be  made. 

Removing.  Sticky  Material  from  Dump  Cars.  Engineering  and 
Contracting,  Sept.  25,  1907,,  gives  the  following:  In  excavating 
for  a  foundation  at  New  York  City  part  of  the  spoil  was  dumped 
into  seagoing  scows.  The  spoil  was  conveyed  to  the  dock  in  3-yd. 
wooden  sidepdump  cars  and  loaded  by  means  of  a  stiff-leg  derrick 
withi  60-ft.  boom  seated  in  the  edge  of  the  dock.  The  pivots  on 
the  car  trucks,  were  removed  and  the  car  bodies  were  used  as 
skips,  being  lifted  over  the  scows  ty  four  chains  attached  to 
their  corners. 

,  ,  The  excavated  material  was  sticky  and  tenacious  and  some  diffi- 
culty was  encountered  in  getting  the  cars  to  dump  clean.  This 
trouble  was  done  awayi  in  the  following  manner:  The  drigiiial 
dumping  arrangement  of  the  cars  consisted  of  one  long  side, 
hinged  by  bars  from  each  end,  pivoted  in  the  centers  of  the  end 
walls  andioperated  by  hand  levers.  These  levers  were  removed 
and  the  lower  edges  of  the  hinged  sides  provided  with  latches  to 
lock  them  shut  and  with  rings  engaging  the  hooks  of  two  of  the 
hoisting  chains.  In  dumping,  the  boxes  are  lifted' from  the  cars 
and  setnon  the  deck  of  the  scow,  ^he  chains  slackened  and  the 
latches  opened.  When  the  hoist  is  again  operated  the  chains  first 
open  up  the  revolving  side  and  then  lift  the  box,  revolving  it  until 
the  open  side  is  down  and  all  the  contents  are  discharged. 

A  Methqd  of  Unloading'  Cars  to  Bins  in  a  Small  Space.  En- 
gineering and  Contracting,  May  3,  1911,  gives  the  following: 

Fig.;  20  illustrates  a  hoisting  tower  located  over  the  material 
track  adjacent  to  bins.  A  clarnshell  bucket' is  operated  in  the 
hoisting  tower  to  raise  the  material  from  gondola  cars  to  a  point 
in  the  tower  above  a  swinging  chute.  The  chute  is  automatically 
swung  under  the  bucket  so  that  the  discharged  load  falls  from 
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the  bucket  to  the  swinging  chute  and  from  there  is  guided  to 
its  proper  compartment ,  in  the  bins. 

The  .former  method  for  loading  the  bins  was  By  means  of  a 
bucket  cpnyeyor  which  carried  the  material  from  .a  pit  below 
street  level.  The  material  was  dumped  into  the  pit  through  a 
-grating  from  wagons.  This  method,  would  have  been,  possible 
at  the  present  location  of  the  plant  ii '  bottom  dump  cars  could 


fnq.Eontg 
Fig.  20.     Arrangement  for  Unloading  Cars  into  Bins. 

have  been  secured,  but  as  this  could  not  be  guaranteed  the  new 
device  was  gotten  up.  .        .' 

From  8  to  10  ears  are  unloaded  per  8-hr.  day,  allowing  for 
time  lost  for  switching  and  moving  the  cars  for  the  claitishell. 
Three  men  are  used  in  the  ear  to  locate  the  bucket  and  an  en- 
gineer and  fireman  are  required  to  operate  the  double  drum  engine 
and  boiler.     The  cost  of  the  labor  is  estimated  as  follows: 
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3  laborers  at  3714  ct.  per  hr.,  .,, ?  9.00 

1  engineer  at  75  ct.  per  lir 6.00 

1  fireman  at  37%  ct.  per  hr. 3.00 

.Total  per  day   J18.00 

300  yd.  average  per  day,  per  yd.' f  0.06 

The  plant  and  methods  were  worked  out  by  Mr.  J.  K.  Thomp- 
son, who  is  superintendent  foi"  the  contractors. 

Unloadiag  Cars  hy  Sluicing.  J.  C.  Lathrop,  in  Engineering 
News,  Sept.  25,  1913,  describes  a  method  of  unloading  cars  of 
sand,  gravel,  and  cinders,  employed  by  him  in  the  construction 
of  a  fill  near  Akron,  Ohio.  By  means  of  water  pumped  by 
a  20-hp.  motor-driven  pump  from  a  canal,  400  or  .500  ft.  away, 
the  material  was  sliiiced  from  hopper-bottom  cars  to  any  point 
within  150  ft.  A  4-in.  pipe  line,  with  suitable  valves,  and  100 
ft.  of  2^-in.  hose  was  used. 

The  best  method  was  to  fill  a  car  with  water,  then  open  the 
bottom  gates,  and,  with  a  jet  from  the  hose,  wash  the  material 
into  galvanized  iron  chutes  leading  from  a  point  -beneath  the 
car  to  the  place  of  deposit.  Two'  men  could  unload  a  car  40 
cu.  yd.  of  sand  or  loam  in  2  hr.,  and  of  cinders  in  3  to  4  hr. 

One  decided  advantage  gained  by  the  sluicing  method  was 
solidity  of  fill. 

The  comparative  cost  of  unloading  cars  by  water  jet  and  iiy 
hand  was: 

Unloading  10,000  cu.  yd.  <250  cars)  by  water  jet: 

1,000  hr.  labor  at  20  ct : ?200 

Labor    installing  jand    removing    pipe    electrical    connections,    pump 

and  motor 225 

Depreciation  of  plant   (assumed)    : .' .- 100 

Current,  1,000  hp.-hr.  at  2  ct. 20 

Total  at  5.45  ct.  per  cu.  yd^ - 545 

Unloading  and  spreading  10,000  cu.  yd.  by  shovels  and  scrapers: 

5,000  hr.  labor  at  20  ct.   .: $1,000 

1,600  hr.  team  and  driver  at  60  ct 960 

'      Total  at  19.6  ct.  per  cu.  yd, Jl,960 

Spreaders.  Spreaders  pushed  by  a  locomotive  are  often  used  in 
connection  w^ith  car  unloading  plows.  Fig.  21  shows  a,  spreader, 
made  by  the  0.  F.  Jordan  Company  of  Chicago. 

A  ditching  device  for  use  with  this  spreader  is  shjOwn  in  Fig. 
22.  It  is  claimed  that  this  can  be  operated  a,t  the  rate  of  8  to 
12  miles  per  hr.  in  shallow  cuts  and  that  two  or  three  trips 
through  the  cut  are  sufficient  to  form  the  ditch.  In  deep  cuts 
the  material  is  forced  into  a  pocket  back  -of  the  plowing  edge 
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which  holds  6  to  10  cu.  yd.     The  material  is  wasted  at  the  end 
of  the  cut  or  on  a  fill. 

Cost  of  Spreading  with  a  Jordan  Spreader.  Mr.  S.  T.  Neeley 
in  Engineering  News,  August  9,  1906,  gives  the  cost  of  spread- 
ing   material    dumped    from    12-yd.    Western    dump    cars.     The 


Fig.   21.     A  Jordan  Spreader  at  Work. 

spreader  cost  $2,400,  and  the  engine,  which  was  only  partly  em- 
ployed in  this  work,  cost  $2,200. 
The  daily  cost  per  working  day  was  as  follows: 

Interest  and  renewals $2.00 

Bngine  runner  and  fireman 5,50 

2  laborers  at  $2.25  4.50 

Fuel,   etc 5.75 

Total  per  day $17.75 

The  cost  per  rainy  day  and  holiday  was  $8.50,  giving^  a  total 
cost  per  month  of  $440,  or  a  cost  of  1.4  ct.  per  cu. 'yd.  for  30,800 
■cu.  yd. 

Engineering  and  Contracting,  July  24,  1912,  i  in  an  article  on 
four-tracking  the  New  York  Central  and  Hudson  River  R.  R., 
gives  some  data  on  using  a  Jordan  spreader.  On  this  work  dump- 
ing was  done  from  the  main  track  until  the  embankment  to  hold 
a  construction  track  had  been  built.  The  traffic  was  very  heavy 
on  this  road,  so  no  more  material  was  dumped  from  the  imain 
line  than  was  absolutely  necessary.  Train  loads  of  150  to, 200  cu. 
yd.  were  dumped  and  spread  (using  a  narrow  wing  on  the 
spreader),  in  6  to  8  min.  When  from  12  to  15  min.  were  avail- 
able the  large  wing  was  used,  and  the  earth  was  spread  to  the 
fulL working  depth  of  the  spreader. 

If  the  spreader  is, taken  care  of  it  should  be  sold  at  the  end  of 
15  years  for  a  reasonable  price. 
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The  machine  can  easily  handle  all  material  which  can  be  sup- 
plied by  trains  which  might  be  anywherei  from  1,000- to  20,000 
yd.  per  day.  -     ■        ■■!':- 

The  first  cost  of  the  spreader  was  $5,000.     - 


Fig.   22.    Ditching  Attachment  for  Jordan   Spreadei;.. 

BiWiograpliy.  "  Handbook  of  Construction  Plant,"  Richard  T. 
Dana. 

"  Electricity  and  Haulage,"  Francis  A.  Pocock,  Trwas.  Am.  Inst. 

M.  E.,  Vol.  18,  p.  412.f'  "  Wire  Rope  Haulage  and  Its  Application 

to  Mining,"  Frank  C.  Roberts,  Trans.  Am.  Inst.  M.  E.,  Vol.  16,  p. 

-213.     "  Notes  on  Compressed  Air -Haulage,"  J.  H.  Bowden,  Trans. 

Am.  Inst.  M.  E.,  Vol.  30,  p.  560.    '  '    ' 

"The  First  St.  Tunnel  at  Washington,"  Eng.  iSec.Sept.  3,  1904. 
"  Methods  and  Costs  of  Operating  Automiatic  Railways  for  the 
Storage  of  Materials' ■  in  Bulk,"  Eugene  Michel,  .Bny.  wnd  Con., 
May  15,  1912.  .  ^  .  ■.  .        .. 


CHAPTEE  XI 


METHODS  AND  COSTS  WITH  i  STEAM  AND  ELECTRIC 
SHOVELS 

Types  of  Shovels.  There  are  so  many  different  designs  of  power 
shovels  ,ini  use  tha,t  it  is  extremely  jiiii^cult  to  make  a  complete 
classification.  For  the  purpose  of  study  of  costs  the  following 
classification  see^ns  s,u,fficient. 

1.  Non-Revolving  Shovels. 

a.  Standard  Railroad  Shovel. 

b".  Traction  Shovels  mounted  on  broad-tired  wheels  or  cat- 
erpillar treads,  or  on  "feet"  as  in  the  so  called 
walking  dredge. 

2.  Revolving  Shovels. 

a.  Heavy  Stripping  Shovels  carried  on  two  parallel  tracks. 

b.  Standard    gage   Railroad   Revolving   Shovels   including 

the  so  called  Railroad  Ditchers. 

c.  Small"  Revolving  Shpvels  mounted  on  wheels^'  skids  or 

caterpillar  treads. 

3.  Miscellaneous  Excavating  Tools  of  the  Shovel  Type. 

How  to  Handle  a  Steam  Shovel  Plant.  Mr.  E.  A./ Hermann's 
excellent  monograph  on  this  subject  is.  now  out  of  print,  but  we 
are  indebted  to  his  work  for  some  of  the  following  suggestions. 


Fig.  I.     Side  View  of  Steam  Shovel. 

Figs.  1  and  2  show  the  general 'features' of  the  types  of  ma- 
chines designed  to  run  on  tracks.  It  will  be'  noted  in  Fig.  2  that 
jacks  are  used  at  the  sides  to  brace  the  machine.  A  revolving 
shovel  can  dispense  with  these  jacks. 

Operation  of  Steam,  Shovels.  All  movements  of  the  dipper  are 
usually  controlled  by '  two  men,  the  crane&mari  and  the  ertgine- 
man.  The  enginemau  opel*ates  the  levers  that  cause  theiralsing 
or  lowering  of  the  dipper-  and  the  swinging  it  right  or  left.     The 
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cianesman  regulates  the  depth  of  cut  made- by  the  dipper,  releases 
it  from  the  bank  when  iull,  and  trips  the  latch  of  the  bottom 
door  when  ready  to  dump  the  bucket.  These  two  men  must  learn 
to  work  in  perfect  unison,  for  the  output 'of  the'  shovel  depends 
very  largely  upon  their  'combined  skill.  After  dumping,  the 
bottoih  door  latc^ies  by  its  own  weight  wheii  the  bucket  is  swung 
down  and  back  ready  for  the  next  scoop.  In  loose  gravel  a 
bucketful  can  be  loaded  every  y^  to  %'min.,  in,  hard  materials, 
1.5  to  2  min.,  but  one  would  inak^a  grievous  bliinder  were  he  to 
figure  the  d,aily  capacity  of  a  shovel  on  any  such  basi^',  for  there 
are  .always  delays  in  moving  the  shovel  forward  and  placing  the 
jacks  which  has  to  be  done  about  every  4  or  5  ft.,  delays  in 
"spotting"  cars  ready  for  loading,  etc.     The   laying  of  .^  new 


,Kg.  2.     Front-.yiew  of  Steam  Shovel. 


section  of  track,  moving  the  shovel  forward,  4  ft.  by  it's  own 
power,  and  jaclcing  up  will  ordinarily  consume  3'  or  4  min. 

The,  width  of  the  cut  or  swath  excavated  by  a  shovel  varies 
from  18  it.  for  the  smaller  shovels  to  120  ft.  for  the  larger  ones. 
The  depth  of  a  cut  depends  largely  upon  the  material;  easy 
running  sand  or  gravel  might  be  worked  almost  to  any  depth; 
•sidehill  cuts  in  loo^e  gravel  up  to  300  ft.  in  height  have  been 
taken.  There  is  danger  in  such  C3,ses  of  a  slip  tbat  will  bury  the 
shovel.  Cuts  60  ft. .deep  are  common,  in:  gravel  pits.  In  average 
material  duts  of  25  to  30  ft.  are  common,  while  in  hard  tenacious 
material  the  cut  should  -  not  be  deeper  than  the,  height  to  which 
the  dipper  can  be  raised  —  that  is,  14  to  20  ft.  Where  cuts  are 
very:  shallow  the  ordinary  steam  shovel  cannot  work  economipally 
at  ally  although  the. 'Small  revolving  shovels  seem  better  adapted 
to  shallow  cuts  thaa  any  of  the  others. 

Beside  the  cranesman  and  the  engineman  there  are  usually  a 
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flreman,  a  blaicksmith,  a  blacksmith's '  helper)  t-Wb  to  Ave  car 
repairers,  and  four  to  teii  laborers.  In  avei'age'  soil  four  laborers 
are  enough,  but'  in  tough  material  that  must  be  broken  down  by 
wedging  or  blasting  ten  a,nd  sometimes  more  are  needed.' 

For  breaking  down  the  baiik  in  front  of  the  shovel  the  men  are 
provided  with  a  16-ft.  hickorj  or  ash  pole,  shod  with  a  pointed 
spike. 

The  blacksmith  and  helpers  are  provided  with  a  portable  shop, 
forge,  etc.;  their  principal  work  consisting  in  repairing  side 
boards,  chains,  etc.,  on  the  cars.   '     -  • 

Higher  Cost  in  Shallow  Cuts.  The  reason  for  the  increased 
cost  in  shallow  cuts  is  quite  apparent  if  one  stops  to  "  figure," 
but  in  deepening  the  Erie  Canal,  for  example>  where  the  cut  was 
only  1  to  2  ft.  deep,  we  have  seen  steam  shovels  used  by  con- 
tractors who  evidently  had  not  stopped  to  "figure"  beforehand 
—  they  did  their  "  figuring "  afterward,  to  their  sorrow. 

If  a  shovel  could  excavate  a  block  18  ft.  wide  by  2  ft.  deep  by 
4  ft.  forward,  each  move,  it  would  excavate  less  than  3  cu.  yd. 
before  a  move  would  be  necessary.  Obviously  the  bucket  would 
go  out  about  half  full  each  scobp,  but  even  assuming  that  it  were 
full,  and  held  1  cu.  yd.,  we  see  that  more  than  half  the  shovel 
time  would 'be  Spent  ill  moving  forward.  If  the  shovel  load  were 
%  cu.  yd.,  which  is  higher  than  the  average  in  such  a  shallow 
cut,  the  shovel  would  be  doing  useful  work  about  2.5  hr.  out 
of  the  10.  • 

Widening  Kailway  Cuts.  This^  is  a  class  of  work'  for^  which 
steam  shovels  are  so  often  used  that  we  shall  consider  the  methods 
of  attack  in  some  detail. 

Before  the  shovel  can .  begin  work  it  is  generally  necessary  to 
excavate  a  section  of  the  "cut,  3.B,  Fig.  3,  30  to  50  ft.  long,  using 
wheelbarrows,  scrapers  or  the.  like.  The  switch  AB  is  laid 
off  the  main  track  for  the  shovel  to  travel  upon,  and  the  "mud 
train,"  of  10  to  20  flat  cars,  is  dra^n  up  on  the  main  track  ready 
to  be  loaded.  The  shovel  is  moved  forward  as  soon  as  all  the 
material  within  reacji  has  -been  loaded,  and  to  do  this  short  sec- 
tions of  track  4  to  6  ft.  long  are  provided.  These  sections  are 
usually  moved  by  attaching  them  to  the  dipper  with  a  chain,  and 
dragging  them  from  the  rear  to  the  front.  When  the  shovel  has 
mdved  forward  the  length  of  a  full  rail,  30  ft.,  rails' are  laid  to 
extend  the  Switch  so  as  to  keep  it  cloke  to  the  shovel.  This  is 
particularly  desirable  where  the'  bank  is  apt  to  cave,  for  then  the 
shovel  can  be  moved  back  ilf  (caving  is  anticipated. 

Since  railway  hauls,  are  usually  long  it  seldom  pays  to  have  less 
than  two  locomotives  with  trains,  and  unless  automatic  dump 
cars  are  Used  two  trains  will  be  found  econoniit!  even  on  short 
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hauls  pf  %^  mile  or  so-  This,  however,  is  a  matter  tha,t  the  con- 
tractor or  engineer  , may  quickly  determine! by.  a  little  observation 
in,  each  particular  case.  Three  engines  and  crews  will  be  needed 
for  hauls  of  more  than  10  miles,,  or  where  the  traflSc  on  the,  main 
line  ,i^  80  great,, as  to,  cause,  Hiany  delays  .in' moving  the  "mud 
train,",  A  contractor  in  estimating  the  cost,  of  widening  railway 
cuts  must  be  careful  to  allow  liberally  for  delays  due  to  trafSc,  on 


:  1  ■(     Jil      •  Kl.is'i  i  '!■   Ml 


Eig.,j3.     Shovel  .Widening  Cut. 


the  UMtin  line,  which. may  be  40  to  70%  of  the^worljing  10:hr. 

day.  -    ■,    •  :.:,:''  ,    .:..-,,:      ■- 

As  shotvn  in.Figi  2,:  the !tr*ok,  on  which  the  shovel  runs  should 
be  a  foot  ori  two  lower,  than  the  main  track,  not  only  tO;  provide 
for  material  that  drops  off  the  cars  and  that  washes  in  from  the 
sides  of  the  cut,  but  also  to  drain  the  ballast  on  the  main  track. 

Where  the  traffic  delays,  do  not   exceed  5   hr,  out  of ,  the, /1 0 


Fig.  4,     Arrangement  of,  Tracks. 

working  hours  it  is  gener.ally  considered  more  economic  to  work 
as  just  described, 'but  when  the  delays ; become  piore  frequent, 
ariother  method  must  i be  employed.  ;,  ,,,  . 

A  narrow  cut  is  first  made  by  hand  shoveling. so  that,  a  switch 
track  for,the("mud  train "  may  be  laid,  Fig.  4.,  In  doing 
t)iis  ihand  .exeavation,:fflat  ■  cars  are  often  loaded  by;  men,  ^j>th 
wheelbarrows, .  but  this  method  is  slow  since  only  a  very  small 
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gang  of  men,  6  to  10,  can  be  worked  at  the  face  of  the  cut.  Three 
to  six  ilat  cars  are  run  out  on  the  side  switch,  and  a  plank  run- 
way laid  on  the  end  car  nearest  the  face  of  the  work.  The  men 
load  the  car  farthest  froni'  the  face  first.  The  author  would  sug- 
gest that  a  "  locomotive  crane "  or  traveling  derrick  moving  back 
and  forth  on  the  main  track  could  be  used  to  excellent  advantage 
instead  of  wheelbarrows  for  work  of  this  character;  and  in  soft 
material,  if  provided  with  a  clam-shell  butket,  such  a  traveling 
derrick  could  be  operated 'witli  very  little  hand  shoveling  at  all. 
Upon  the  approach  of  a  train,  the  traveling  derrick  can  rapidly 
move  to  the  side  switch  back  !of  the  mud  train.  Instead  of  flat 
cars,  contractors'  dump  ears  may  be  used  and  drawn  away  by 
horses  to  the  dump,  or  one-horse  dump-carts  may  be  used.  The 
work  is  too  confined  for  scrapers  to  be  used. 

After  the  narrow  cut  has  been  made,  the  ^ide  track  is  laid  and 
the  steam  shovel  run  in  on  a  second  switch  ^hown  in  Pig.  4. 

Cutting  Down  Railway  Grades.  It  often  becomes  necessary  to 
cut  down  railway,  grades  at  summits,  when  methods  of  attack 
differing  from  the^foregoiiig  mjust  be  adopted.  Fig.  5  shows  the 
most  common  method  of  attack  where  the  mud  train  is  on  the 
main  track.  It  will  be  noted  in  Fig.  5  that  the  steam  shovel 
track  is  on  blocking,  the  grade  of  its  track  being  about  2  ft. 
below  that  of  the  main  track  jwhich  is  about  as  low  as'  a  small 
shovel  can  work  and  dump  into  the  cars,  "the  blocking  is  made  of 
6- X  12-in.  X  4-ft.  sticks  upon  which  12- x  12-in.  track  stringers  are 
laid,  and  the  track  is  kept  level.  This  blocking  is  generally  .^ 
ft.  high,  for  a  small  shovel  can  usuallyjdig  only  5  ft.  below  the 
track  it  runs  upon;  thus  it  will  be  seen  that  the  depth  of  each 
slice  or  cut  is  only-5  +  2  =  7  ft. ;  and,  as  shown  in  Fig.  5,  the  suc- 
cessive cuts  are  parallel  with  the  old  main  track  grade  until  the 
last  cut  is  made  to  final  grade.  This  shallow  cutting  and  block- 
ing up  of  the  shovel  track  make  the  work  somewhat  more  ex- 
pensive than  ordinary. 

The  engineer  in  "fixing!  a  hew  grade  should  have  in  mind  the 
fact  that  it  is  cheaper  tp  make  an  even  number  of  full  cuts  of 
say  7  ft.  each  than  to  plan  so  that  a  fractional  part  of  a  full  cut 
must  be  made.  ■  ; 

Some  shovels  cut  fully  8  ft.  below  tl^eir  track  instead  of  5  ft., 
and  for  extensive  work  of  this  kind  arfe ,  evidently  far  more  eco- 
nomic.    Figs.  6,  7  and  8  show  various  ^oss-sections  of  cuts. 

It  should  be  noted  that  a  steam  shbvel  cuts  a  1  to  1  slope, 
whereas  the  finished  side  slopes  must  often  be  1.5  to  1.  In 
that  case  the  shovel  can  either  undercut,  as  in  Fig.  7,  or  it  can 
supercut,  as  in  Fig.  8.  Undercutting  is  the  most  economic  for 
no  more  material  is  moved  than  is  necessary;  and  the  rains  will 
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slough  off  the  upper  part  of  the  cut  until  the  desired  permanent 
side  slope  is  obtained.  But  if  the  work  is  super-cut,  the  sloped 
must  be  trimmed  by  hand,  vfrhich'is  an  expensive  method. 

Where  traffic  is  very  heavy  a  temporary  side  track  must  first  be 
built,  as  described  imdfer  Widening  Cuts.    Fig.  9  shows  such  a 


Fig.  6.     Cross  Section  of  Cut. 


Fig.  7:    Cross  Section  of  Cut;  Shovel  Undercutting. 


Fig.   8.     Cross   Section  of  Cut;    Shovel   Super-Cutting. 


^fm'iu>'»""'}>""'"' 
fA;    I    ^ 
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Fig.  9.     Cross  Sectipn  of  Cut.     Using  Temporary  Mai^   Track. 

temporary  track  at  A.  If  the  depth  of  the  original  cut  exceeds, 
the  height  to  which  the  dipper  can  be  raised,  and  if  the,  material 
is  so  tenacious  that  it  cannot  be  broken  down  by  the  men  with 
bars,  then  cuts  are  made  as  in  Fig.  10,  where  L  L  are  the  tempo- 
rary loading  tracks.   ■ 
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,  Ob  double  track  railways  the  traffic  may  be  (Jiverted  to  one  qt 
the  tracks  while  the  other .is;  used  for  the  "mud  train." 

It  will  he  seen  that  each  out  must  be  studied  as  a  separate 
problem,;  the,  object  being  to  secure  the  necessary,  deepening  with 
the  fewest  possible;  ijumher  s  of ,,"  swaths  "' or  c]its,  ili,,i 

Railway  Construction  Work.  Where  an  entirely  new  cut  is  to 
be  taken  out,  the  work  may  be  kttacked  in  a  way  somewhat 
different  from  the  widening  or  deepening  of  'existing  cuts.  There 
are  two  methods  of  attacking  a  new  cut:      (1)   The  through-cut 


Fig.   10.     Using  Temporary  Track  in  a  Deep  Cut. 

method;  or  (if  the  side-cut  method.  The  work  that  we  have 
just  been  describing  comes  under,  the  side-cut  method;  that  is, 
the  cars  are  loaded  upon  a  track  laid  alongside  of  the  shovel  and 
in  advance  of  it.  The  through-cut  method  is  shown  in  Fig. '11, 
from  which  it  will  be  seen  that  the  loading  tracks  are  carried 
through  at  the  same  time  with  the  phovel  track.  One  of  the 
loading  trae^  Sij  is  pftenjiispensed  witb». although  the  work  is 


Fig.  11"    Through  Cut  Method  on  New  Construction. 

greatly  facilitated  by  having  two  cars,  B  and-Bi,  always  on  hand 
to  be  loaded.  .^ 

In  through-cut  work  only  contractors'  dump  cars  can  be  used, 
since  it  is  obvious  that  a  flat  car  could' not  be  run  up  far  enough 
to  be  Ida'ded.  Moreover,  the  frequent  moving  of  the  cro^s-over 
tracks,  C  and  Ci,  makes  it  important  that  the  track  be  a  light 

OHe.    '  "         ■'■"■    ■■_  '  .,].■.  ■  :  ,:,'.,. 

The  grea,t  objection  to  the  side-cut  method '  is  that  the  grade 
of  the  natural  ground  is  generally  so  steep  that '  a  side-track  can- 
not be'  laid  over  which  a  locomotive  can  travel,  and  to  get  a  side- 
track through  the  shovel  often  has  to  do "  a  lot  of  dead  work} 
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as  shown  in  Fig.  12,  wliere  the  shove!'  is  shown  in  the  act  of 
cutting  down  the  top  of  the  hill  so  as  to  make  a  trackway  for  the 
loading  track. 

Wheel  scrajpers,  or  the  like,  can  in  many  cases  be  used  in  sUch  a 
case,. and  thfe  inatierial  may  be  Wasted  off  to  one  side  or  put  in  the 
fill,  if  the  haul  is  short.  Where  a  track  can  be  laid  at  once  on  the 
natural  ground,  or  where  such  cutting  as  is  shown  in' Fig.  12  is 
small,  the  side-cut  method  is  of  course  to  be  preferred  siiide  the 
cars  are  more  quickly  "  spotted,"  that  is,  placed  alongside  the 
shovel  ready  to  be  loaded. 

Where  the ,  through-cut  method  is  used,  as  in  Fig.  11;  either  a 
team  of  horses  is  used  to  spot  the  cars,  or  a  light  4-hp.  hoisting 
engine  Mth  cable  may  be  used,  the  engine  beilig'  generally  sta- 
tioned  on   the   bluff  in   front   of   the   shovel.     Some   contractors 


Fig.  12.  Side-Cut  Method  on  New  Construction.  > 

use  an  extra  locomotive  for  spotting  the  cars,  and  upon  the 
whole  that  is  the  best  method.        '  .    .  _         _  _ 

If  the  steam  shovel  used  is  of  the  traction  type,  weighing  ^bout 
35  tons,  it  can  readily  climb  the  summit  of  most  hills  that  are  to 
be  cut  ddwn,  ahd  attack  the  wbrk  there  by  the  side-cut  method, 
providing  the  cars  can  be  moved  over  their  track.  A  dinkey  loco- 
motive will  c*mb  a  10%  grade  with  4  empty  cars,' so  that  if.  the 
grades  are  greater,  the  only  methods  remaining'  are  to  load  into 
wagons,  or  to  use  a  hoisting  engine  to  pull  the  empty  cars  up  and 
let  the  full  ones  down  to  the  dump. 

By  providing  snubbing  posts  against  which  th&  wire  cable  rubs, 
such  a  cable  may  be  used  for  long  distances  (IjOOO  ft.)  even  on 
curves ;  and  by  using  a  second  hoisting  engiile  to  take  the  cars 
when  the  first  reaches,  the  "  end  of  its  string,"  distances  up  to 
nearly  half  a  mile  may  be  covered.  Where  cables  are  used  in 
this  way  on  the  side-cut  method,  a  train  of  4  to  6  cars  is  usually 
operated,  and  the  track  must  be  laid  on  a  grade  of  at  least  l.S 
to  2%  to  insure  that  the  cars  will  start  and  run  down  by  gravity. 
Each  train  of  cars  is  pulled  up  past  the  shovel,  and  the  last  car 
loaded  first;  then  the  hoisting  engineman  slacks  on  his  brake  and 
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lets  the  cars  "  down  a  notch,''  so  , that  the  next  one  can  be  loaded 
I  There  is  always  some  lost  time  in  dropping  the  loaded  cars,  out 
of  the  way  ^nd  getting  up  a  train  of  empties,  even  wheire  a  double- 
drum  engine  is  used,,  but  the  shoyel  can  b?  moved  forward  during 
this  interval  and  so  reduce  the  lost  time.  ,  Thp  cable  method  ,  is 
not  as  ecpnomic  as  the  use  of  contractors'  locomotives,  aiid  is  not 
used  where  it,  can  be  avoided. 

Canal  Excavation.  We  come  now  to, a  class  of  wprk  that; usu- 
ally differs  considerably  from  railway  excavation.  In  modern 
canal  work  the  material  taken  from  cuts  is  not  used  to  make  fills, 
but  is  wasted.  This  generally  makes  an  entirely  different  method 
of  attack  necessary,,  for  while  the  upper  part  of  the  excavation 
can  be;,takpn  out  by  the,  side-qut  method;  as  the  excavation  in- 


Fig.  13.     Arrangement  of  Track  on  Chicago  Drainage  Canal  Work. 


creases  in. depth  a  time  is  reached  when  locomotive#cannot  climb 
the  grades  necessary  to  get  out  of  the  canal  prism  to  the  waste 
dumps.  Since  the  shovels  do  not  have  to  make  frequent  moves 
from  hill  to  hill  as  in  railway  work,  a  larger  tj'pe  of  shovel  can 
be  used;  but  there  is  no  gain  infusing- larger  shovels  unless  large 
cars  can  be  delivered  rapidly  enoughs  to  keep  the  shoyel-  busy,  or 
unless  the  material  when. blasted  breaks  up  in  such:  large  chunks 
that  a  small  shovel  cannot  handle  it  at  all. 

Figs.  13  and  14  show  arrangement  of  track  on  two  sections  of 
the  Chicago  Drainage  Canal  work.  Cars  were  handled  with  con- 
tractors' locomotives.  Both  these  examples  illustrate  the  use  of 
the  side-cut  method  of  excavating  the  upper  part  of  a  canal 
section.  .        ,      . 

i  When  i  the  depth  of  the  cut  reaches  a  point  where  the  locomo- 
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tivea  cannot  move  the  trains  up  the  inolinej  it  becpnies  necessary 
to  install  a  hoisting  engine  plant,  using  a  calale  to  pull,  cars  up  the 
incline. 

The  cars  may  be  loaded  by  the  side-cut  method  as  before,  m^ 
run  to  the  foot  of. the  incline  either  by  locomotives  or  by  teams  of 
horses,  and  there  hoisted  by  the  engine.  At  the  top  of  the  incline, 
either  horses  or  a  locomotive  may  be  used  to  haul  to  the  dump. 

Since  the  hoisting  engine  must  be  moved  when  the  haul  to  the 
shovel  becomes  very  long,  the  hoisting  engine  may  be  mounted 
on  a  platform  car  18  x  40  ft.,  running  on  a  very  wide  gage  track. 
A  13  X  16-in.  double-drum  engine  has  handled  2,500  cu.  yd.  per 
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Fig.  14.     Another  Arrangement'of  Track,  Chicago  Drainage  Canal. 


10-hr.  day  on  one  of  these  inclines..  As  such  a  plant  costs  only 
$3,000,  and  is  very  flexible,  being  easily  adapted  to  any  particular 
kind  of  work,  it  is  evidently  meritorious.  Where  An  incline  serves 
only  one  shovel,  instead  of  two,  a  much  smaller  engine  will  evi- 
dently serve. 

Fig.  15  shows  the  arrangement  of  tracks  for  use  with  such  an 
incline.  It  will  be  noted  that  the  tracks  on  the  dump  are  so 
arranged  that  the  loaded  cars  can  be  run  on  track  A,  so  as  to  pass 
the  empty  cars  returning  on  track  B. 

By  using  locomotives  instead  of  horses  to  handle  the  cars  it 
would  not  be  necessary  to  move  the  incline  often,  unless  it  were 
to  keep  down  the  investment  in  rails  and  ties. 

D.  J.  Hauer,  in  Engineering  News,  Dec.  31,  1903,  calls  attention 
to  the  fact  that  through  cuts  and  grade  reductions  work  are  more 
expensive  with  a  steam  shovel  than  widening  cuts,  thei  first  class 
of  work  mentioned  being  the  most  ■■  expensive  of  the  three.     For 
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throiigh  cuts,  especially  where  they  are  small,  requiring  frequeait 
moving,  a  35-  to  45-ton  shovel  is  to- be  preferred,  as  it  is  more 
easily  moved  and  its  1  to  1%  dipper  will  fill  cars  as  fast  as  they 
can  be  shifted.     But'  65-  to  95-ton 'shovels  are  better  on  grade 
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Fig.  15.     Tracks  Used  with  an  Incline. 

reductions  and  double  tracking,  because  they  can  he  moved  on 
the  existing  track.  They  can  be  easily  supplied  with  coal  and 
water  and  more  readily  served  with  cars. 


Fig.  16.     Cross  Section,  of  Steam  Shovel  Excavation   (Solid  Lines 
...     Show  Intended  Final  Cross, Section;  Dotjied. Lines., 
Show  Section  Actually  Cut  by  Shovel). 

S.  T.  Neely,  in  Engineering  News,  Aug.  9,  1906,  describes  a  job 
where  a  65-ton  Bueyrus  shovel,  loading  12-yd.  Western  dump  cars, 
took  out  the  first:  cut  to  a  depth  of  9  ft,  below  the  top  of  rail  of 
loading  track  as  shown  in  Fig.  16,  ■ :. 
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Attention  is  called  to  the  fact  that  such  a  deep  excavation  is  -too 
deep  for  the  fastest  work,  and  that  the  first  cut  was  so  large  as 
to  require  excess  excavation  in  the  remaining  cuts.  A  progTam 
of  excavation  is  suggested  in  Fig.  17  which  wowld  obviously  have 
been  more  economical. 


Mg.  17.     A  Better  Method  of  Excavating  Out  Sliown  in  Pig.  16. 


Uaking  a  Steam  Shovel  Cut  of  Two  lifts  in  One.  This  is  de^ 
scribed  in  Engineering  and  Contracting,  Mar.  2,  J  910,  by  H.  Mor- 
ton -Stephens. 

The  work  on  which  this  was  done  was  in  North  Carolina  on 
the  Southern  T?y,  The  outfit  used  consisted  of  two  model,  60. 
Marion  shovels,  seven  dinkeys,  cars,  rails,  etc.  The  shovels  were 
started  at  opposite  ends  of  the  work,  one  of  them  being;  moved  a 
distance  of  9  miles  in  10  days  over  dirt  roads.  ,, 

The  first  two  cuts  taken  out  by  one  shovel  contained  about 
52,000  ci'.  yd.  and  were  taken  out  in  the  usual  8  ft.  lift  manner. 
The  speeifieations  of  the  railroad  company  called  for  a  20-ft. 
roadbed  and  1  to  1  slopes  in  cuts,  and  would  not  allow  the 
contractor  for  the  additional  width  made  necessary  by  the  use 
of  a  model  60  shovel,  which  requires,  when  using  a  dinkey  track 
in  the  bottom  of  the  cut  on  the  last  lift,  a  26-ft.  roadbed. 

As  the  remaining  six  miles  allotted  to  this  shovel  were  all 
practically  two-lift  cuts,  averaging  about  13  ft.  in  depth,  and  as 
some  of  tlie  cuts  were  about  3,000  ft.  long,  it  was  apparent  that 
some  scheme  had  to  be  devised  whereby  this  extra  unpaid  for 
material  would  not  have  to  be  moved.  ,/i 

Upon  investigation  it  was  found  possible  to  raise  the  boom  on 
the  shovel  by  simply  taking  out  the  links  or  loops  in  the  boom 
support  guy  rods  or  hog  rods,  at  the  end  where  they  are  attached 
to  the  yoke  at  the  apex  of  the  A-frame.  It  was  also  found  neces- 
sary to  make  two  plates  to.  fit.  on  the  rim  of  the  swinging  circle, 
at  the  corners  of  the  aperture  in  the  same  under  the  boom,  in 
order  to  reduce  the  angle  and  prevent  the  cutting  of  the  eable 
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which  operates  the  swinging  circle.  This  raising  of  the  boom, 
etc.  was  accomplished  in  about  two  hours. 

The  shovel  then  started  in  on  a  single  track  cut  about  3,000  ft. 
long,  with  an  average  depth  of  9  ft.  The  deepest  cut  was  15  ft., 
and  was  taken  out  in  one  lift  by  lowering  the  dinkey  track  1% 
ft.  With  the  boom  raised  in  this  manner  it  was  possible  to 
dig  a  13:^-ft.  lift;  and  when  cuts  are,  say  16  ft.,  it  is  possible 
to  take  them  out  in  one  lift,  by  excavating  a  trench  for  the 
dinkey  track  about  3  ft.  deep.  The  material  coming  from  this 
trench  is  placed  inside  the  slope  stakes,  and  later  taken  out  with 
the  shovel. 

By  this  method  one  tra:cka.ge  layout  is  sufficient  for  a  cut  of 
the  above  nature.  There  is  no  moving  back,  and  there  is  very 
little  extra  material  taken  out  even  with  a  roadbed  specified  to 
be  only  20  ft.  wide.  The  shovel  is  a  little  faster  acting  with  the 
boom  raised,  as  described,  and  there  is  no  additional  wear  and  tear 
on  the  machinery. 

The  material  encountered  was  almost  all  stiff  clay,  with  a  small 
amount  of  loose  rock.  This  shovel  has  averaged  about  25,000  cu. 
yd.  per  month,  and  has  only  had  one  breakdown,  this  being  a 
very  small  matter. 

Cost  of  Steam  Shovel  Work.  Shovels  are  so  designed  that 
about  3  dipperfuls  can  be  averaged  per  minute  when  actually 
loa,ding  cars;  but  the  author  finds  that  even  with  well  arranged 
tracks,  and  a  good  high  face,  the  necessary  delays  of  shifting  the 
shovel  ahead,  switching  .the>  trains,  moving;  the  shovel  back- to 
start  a  new  swath,  etc.,  keep  the  shovel  idle  ahout  half  the  time. 
Occasionally,  under  exceptionally,  favorable  conditions,  a  shovel 
may  average  6  or  6%  hr.  of  actual  shoveling  per  10-hr.  day. 

The  size  of  the  dippers,  as  listed  in  catalogues  often  refers  to 
dippers  heaped  full  of  loose  earth.  The  actual  "  place  measure  " 
averages  about  30%  less  than  the  listed  capacity  of  a  dipper, 
for  not  every  dipper  goes  out  full,  and,  even  if  it  does,  the 
earth  is  not  as  compact  in  the  dipper  as  in  place. 

On  the  basis  of  3  dippers  loaded  per  minute  of  actual  work, 
we  have  the  following  for  dippers  of  different  sizes: 

Dipper —  Output  in  Cu.  Yd.  — 

Nominal,  Actual  (average)  Steady  Shoveling 

Yd.                           Yd.  10  hr.             ~      5  hr 

.     1  i                            0.7  1,260                        630 

1%                           1,0  1,800                        900 

2                               1.4  '2,520                      1,260 

2%                            1.7  3,060                     1,530 

We  see  that  where  the  shovel  is  actually  shoveling  5  hr.  out  of 
the  10  (and  this  is  a  good  average),  a  1-yd.  dipper  will  load  630 
cu.  yd.;  a  1%-yd.  dipper,  900  cu.  yd.;  a  2^-yd.  dipper,  1,530"  cu. 
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j-d.  However,  the  track  arrangement  must  be  such  that  cars, 
are  promptly  supplied  to  the  shovel,  if  any  such  average  as 
900  cu.  yd.  per  day  per  1%-yd.  dipper  is  to  be  maintained. 

Taking  the  1%-yd.  dipper  as  the  common  size,  we  may  say  that 
in  "  average  earthj"  with  cars  promptly  supplied,  900  eu.  yd. 
are  a  fair  10-hr.  day's  work;  but  if  only  one  dinkey  is  used,, 
the  lost  time  may  easily  be  increased  to  such  an  extent  that  650 
cu.  yd.  become  a  good  day's  work  in  "  average  earth."  In  hard- 
pan,  or  exceedingly  tough  clay,  the  output  of  a  shovel  may 
fall  to  about  half  the  output  in  "average  earth";  that  is,  450 
cu.  yd.  per  10-hr.  day  with  a  1^-yd.  shovel. 

The  size  of  shovel  to  select  for  any  given  work  depends ^upon 
the  yardage  of  earth  in  each  cut  —  not  upon  the  total  yardage 
in  the  contract.  On  very  light  cuts,  such  as  street  and  road 
work,  cellars,  etc.,  a  small  shovel  with  a  %  to  1-yd.  dipper  is 
usually  most  economic.  Use  a  small  26-ton  traction  shovel,  with 
1-yd.  dipper  for  small  railway  cuts,  where  moves  from  one  cut 
to  another  will  be  frequent.  Use  a  55  to  g5-ton  shovel  with  1% 
to  2^-yd.  dipper  where  cuts  are  heavy,  and  moves  not  very  fre- 
quent. Use  a  70  to  90-ton  shovel,  with  21^  to  3%-yd.  'dipper 
on  heavy  cuts,  where  moves  are  infrequent.  Of  course  a  heavy 
shovel  with  a  small  dipper  is  necessary  in  hardpan  and  very  tough 
material. 

The  cost  of  operating  a  55-ton  shovel  is  ordinarily  asfollows, 
(at  1914  wages  and  prices)-,  assuming  22  days  worked  during 
the  month,  and  0  months  worked  during  the  year,  or  132  days 
actually  worked  per  year: 

Per  day 
Shovel  Crew :  '  worked 

1  engineman  on  shovel,  «t  $125  per  month  ?    5.J0 

1  craneman  on  shovel,  at  $90  per  month  4.10 

1  fireman  on  shovel,  at  $65  per  month  3.00 

6  pitmen,  at  $1.75  per  10-hr.  day  10.80 

1  night  watchman,  at  $50  per  month  2.30 

Total  shovel  crew   $  25.60 

Coal  for  shovel,  H4  tons,  at  $4,  delivered  $    5.00 

\fater 3.00 

Oil  and'waste' g|Q 

Interest  on  $7,200  shovel  at  6%  per  year -H  132  days  =.^5 

*  Repairs  on  $7,200,  Sl%  per  month -r '22  days ■'■ .10-00 

Depreciation  on  $7,200,  6%  per  year  rH  132  -days  ''■■'° 

Total  steam  shovel  crew,  fuel,  repairs,  etc $  50.60 

Moving  and  housing  shovel  once  during  year,  say,  $500-7-132  days..         4.00 

Total  charges  on  shovel ■ $54.60 

*  Repairs  are  less  in  earth  than  in  rock.  In  the  soft  rock  on  the  Panama 
Canal,  monthly  repairs  averaged  4%  of  the  first  cost  of  shovels,  working 
one  8-hr.  shift. 
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Train  Crew: 

2  enginemen   (on  2  dinkeys),  at  $3   - $    6.00 

2  trainmen,    at  $2    4.00 

6  dumpmen,   at  J1.75    ■••■  10.50 

Total  train  crew  $20.50 

Coal  for  2  dinkeys,  0.6  ton,  at  $4  $    2.40 

Water    .,,.,• , 1.50 

Oil  and  waste 0.50 

Interest  on  $8,000  (2  dinlceys  and  24  cars),  at  6%  per  year  -i- 132  days  3.65 

Repairs  on  $8,000,  at  1%%  per  month  H-  22  days  6.45 

Depreciation  on  $8,000,  at  8%  per  year—-  132  days  4.85 

Total  train  crew,  fuel,  repairs,  etc $  38.85 

Moving  and  housing  loconio^ivcs  and  oars  once  during  year,  same 

as  for  shovel  ., ' 4.00 


Total  charges  of  locomotives  and  cars  $  42.85 

Track  Crew  and  Track; 

6  men  grading  and  track  shiftini;,.  at  $1.75  $  10.50 

Interest  on  $2,250   (rails    (35  lb.  per  yd.)    arid  fastenings  for  1  mile 

■     track), 'at  S'/,  -H  132  days :..: 1.00 

Depreciation  on  $2,250,  at  12%  -f- 132  days  2.00 

Interest    on   $750    (ties,    at   30   ct.    each,    2   miles   track),    at    6%  H- 

132    days     ......' '. 0,35 

Depreciation  on  $750   (ties),  at  l0%  per  month -i- 22  days 3.50 


Totar  track  crew  and  track   j. ..;.•,. $17.35 

Supervision,  Etc. : 

%  superintendent,  at  $150  per  month   $    3.50 

1  foreman,  at  $75  per  mpnth  3.50 

1  timekeeper,  at  $65  per  month  3.00 

General  management,  office  expenses,  etc.,  6%  of  daily  payroll  4.00 

Total '  supervision,    etc $  14.00 

Grand  total   $128.80 

Summarizing  we  have  the  following  daily  cost  and  cost  per  cu.  yd.  when 
the  daily  output  is  1,000  cu.  yd.   (or  22,000  cu.  yd.  per  mdnth) : 

'    .  Per  cu.  yd. 

Per  day  ct. 

Shovel   expenses    $  54.60  5.46 

Train   expenses 42.85  4.29 

Track  expenses 17.35'  1.73     ■     ,  ■' 

Supervision,    etc 14.00  1.40      -.'  ■' 


■Total .■.'..........■ $128.80  12.88 

Substitute  existing  wages  and  prices  for  those  above  given.' 
Wages  of  eonatruction  forces  and  prices  of  construction  outfits 
are  now   (lfll9) .  double  what  they  were  in  1914. 

Tough  material  and  unfavorable  conditions  frequently  reduce 
the  daily  output  to  ,60.0  cu.  yd.,  and  run  the  cost  up  to  21  ct.  per 
cu.  yd. 

The  most  variable  of  the  four  main  items  of  dail}'  expense  is 
Track  Expense.  Often  a  large  crew  of  men  is  kept  busy  grading 
for  new  tracks,  although  it  is  rare  that  more  than  10  or  12 
men  are  thus  engaged  for  each  shovel  crew. 
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The  estimated  percentages  for  repairs  and  depreciation  are 
liberal)  but  it  must  be  remembered  that  repairs  increase  as 
the  machines  gi-ow  older,  and  that  a  high  allowance  should  be 
made,  for  depreciation  to  cover  obsolescence,  i.  e.,  the  "getting 
out  of  date  ".  or  behind  the  times. 

Depreciation  of  ties  is  especially  rapid  in  contract  work,  due  to 
the  destruction  that  occurs  from  frequent  track  shifting.  Depre- 
ciation of  rails  is  also  rapid;  due  to  their  becoming  kinked. 

The  foregoing  itemization  of  cost  should  be  taken  merely  to 
represent  a  fairly  typical  example  (at  prewar  wages),  but  each 
particular  case  will  have  its  varying  conditions  that  must  be 
considered. 

Where  temporary  trestles  must  be  built  to  carry  the  cars  out 
over  proposed  Alls,  as  is  common  on  railway  work,  the  cost  of 
the  trestles  must  be  added  to  the  above  figures.  Much  lighter 
timbers  can  be  used  for  dinkey  locomotives  and  trains  than  for 
standard  railway  tracks.  It  should  also  be  remembered  that 
round  poles  can  usually  be  secured  for  the  legs  or  posts  of 
trestle  bents,  and  that  each  bent  usually  has  only  two  legs.  The 
squared  strpgers,  ties,  and  caps  can  usually  be  recovered,  but  the 
posts,  sills  and  sway  braces  are  buried  permanently  in  the  fill. 

The  cost  of  trestles  is  given  in  detail  in  Gillette's  "  Handbook 
of  Cost  Data." 

Analysis  of  Costs  of  Steam  Shovel  Work.  An  abstract  from 
"Handbook  of  Steam  Shovel  Work,"  a, report  by  the  Construc- 
tion Service  Co.,  to  the  Bucyrus  Co.,  which  wa,s  given  in  Engmeer- 
ingand  Contracting,  Cec.  13,  1911,  follows. 

There  are  so  many  factors  entering  into  steam  shovel  work 
that  the  problem  of  determining  the  cost  details  seems  at  first 
highly  complex,  but  systematic  analysis  has  resulted  in  so 
simplifying  it  that  any  man  of  field  experience  ought  to  be  able, 
with  the  help  of  the  following  data,  to  put  his  shovel  work  on  a 
scientific  basis.  To  determine  what  the  work  is  costing  day  by 
day,  is  half  the  problem:  to  determine  what  it  ought  to  cost 
is  the  other  half.  '  > 

To  establish  these  factors  it  was  necessary  to  observe  a  large 
number  of  shovels  in  operation,  and  the  data  given  are  the  re- 
sults of  the  observation  of  nearly  50  different  shovels  at  work  in 
various  kinds  of  earth  and  rock. 

The  unit  costs  of  working  by  hand  will  be  nearly  the  same, 
field  conditions  being  equal,  whether  the  job  is  a  large  one  or 
comparatively  small.  The  steam  shovel  is  dependent  for  its  work 
upon  so  many  factors,  any  one  of  which  may  greatly  helpi  or 
hinder  it,  that  there  is  a  far  greater  diversity  of  results  than 
in  the  case  of  handwork.     The  question  of  how  inuch  work  there 
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must  be  to  justify  the  use  of  a  steam  shovel"  is  vital  in  a  large 
-percentage  of  all  excavation  contracts. 

Repairs  and  Depreciation.  Repair  costs  should  be  apportioned 
to  the  work  done  rather  than  considered  a  function  of  the  age  of 
the  shovel.  It  will  b^  higher  for  rock  than  earth,  and  higher 
for  poorly  broken  rock  than  for  well  blasted  material.  Time 
alone  doesn't  affect  the  unit  cost  of  repairs. 

In  the  item  of  depreciation  the  reverse  of  this  proposition  ob- 
tains. If  the  machine  be  kept  in  proper  repair,  the  depreciation 
is  effected  by  time  alone,  regardless  of  the  work  the  machine 
is  doing.  Many  concerns  class  this  item  and  repairs  under  one 
account,  but  this  practice  is  inaccurate  and  misleading.  There 
is  a  great  disagreement  among  accountants  as  to  how  depreciation 
should  be  figured  and  there  are  many  so-called  depreciation 
formulas  and  cvirves.  The  simplest  to  use,  and  one  which  for 
steam  shovel  work  is  satisfactory  if  proper  allowance  is  made 
for  repairs,  is  the  "straight-line  formula,"  which  is  as  follows: 

(a  — b)  c/d 

X  = \  where  a  —  original  value, 

a 

b  =  valiie  on  removal, 
c  =  time  in  use. 
d  =  estimated  life. 
X  =  %  of  depreciation. 
Then  X  divided  by  the  output  for  the  period  c  will  be  the  cost  of  deprecia- 
tion per  unit  of  performance. 

The  working  life  of  a  shovel  may  be  assumed  to  be  20  years,  and 
assuming  the  first  cost  at  $150  per  ton,  and  its  scrap  value  at 
$10  per  ton,  the  value  for  X  with  a  10-year-old  shovel,  would  be 

($150-$10)  10 

X  —  =  46.67%  in  the  10  years  or  4?^%  per  year. 

$150      20 

The  interest  on  all  money  invested  in  this  work  must  be  in- 
cluded in  the  costs  of  the  work.  In  this  discussion  the  interest 
is  assumed  as  6%. 

The  height  of  hank  to  which  a  shovel  can  work  has  an  im- 
portant bearing  upon  the  costs.  The  reason  for  this  is  that 
the  higher  the  bank  the  larger  amount  of  material  that  can  be 
removed  without  moving  the  shovel. 

Cost  Formula.  The  following  analysis  of  steam  shovel  work 
is  ■  based  on  the  results  of  observations  of  about  50  shovels  at 
work.  The  wages  of  the  different  classes  of  men  were  standard- 
ized' as  listed  below  for  purpose  of  analytical  comparison.  In 
connection  with  this  analysis  the  accompanying  curves  of  cost 
are  useful  in  enabling  a  rapid  estimate  to  be  made  of  the  ap- 
proximate cost  of  steam  shovel  work  in  progress  or  proposed- 
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d  =  time  in  minutes  to  load  1  cu.  tt.  with  dipper  (place  measure). 

c  =  capacity  of  1  car  in  cu.  ft.   (.]}iace  measure) . 

f  =:  time  shovel  is   interrupted  while  spotting  I'car. 

e  =  time  shovel  is  interrupted  to  change  trains. 

g  =:  time  to  move  shovel. 

L  =  distance  of  1  jnove  of  shovel. 

N  =  number  of  shovel  moves. 

M  =  minutes  per  working  day  less  time  for  accidental  delays. 

A  or  B  =  area  in  sq.  ft;  of  section  excavated. 

B  =  cost  in  cents  per  cu.  ft.  on  cars,  for  shovel  work  only  (place  measure). 

L  A  N  =  cu.  ft.  excavated  per  day. 

C  =  shovel  expense  in  cents  in  1  day,   not  including  superintendence  and 

overhead  charges  and  not  including  preparatory  charges, 
n  =  number  of  cars  in  train^ 

(1)  Time  to  load  1  car  =  dc. 

(2)  Time  to  load  1  train  =  ndc  +  nf  +  e. 

L  A 

(3)  Number  of  trains  for  1  shovel  move  — 

n  c  ^      ,  

(4)  Time  between   beginning   of   1  shovel  move   and  beginning  of  next  — 

L  A 

(n  d  c  +  n  f  4-  e) \-  g. 

n  c 
M 

27Cd      270/  f  e  g   \ 

(6)B  = +  — 1-  +  —  :t-"TT) 

M  M  V.  c         nc       LA'./ 

This  is  equivalent  to  the  equation  E  =  md  +  b. 
270 

(7)  Where  m  =: ,  and 

M 


(t          e  g   V 

-  + +  — I 
■  c        nc       LA  y 


(8)    b  = 

The  following  standards  have  been  assumed  for  a  shovel  valued 
at,  say  ,$14,000: 

Per  year 

Depreciation,  4?^%   *    653.34 

Interest    6% 840.00 

Bepairs,'  when  working  one  shift 2,000.00 

$3,493.84 

Per  day. 

Assuming  year  of  150  working  days  * $23.29 

Shovel  runner    5.0U 

Craneman     f"i 

Fireman     • f?" 

%  watchman  at  $50  per  month  10« 

6  pitmen  at  $1.50   •■•• r;;"-  ,?« 

1  team  hauling  coal,  water,  etc.,  %  day,  say,  at  $5...,  i.W 

2Ms  tons  coal  at  $3.50 »-7» 

Oil,  waste,  etc.,  say  _Z__ 

Total  per  day  J^''-"* 

'  *I'or  various  reasons,  such  as  lack  of  continuous  wwk, 
weather,  etc.,  150  working  days  per  year  is  assumed.  This 
will  vary  greatly  with  local  conditions. 
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It  appears  that  the  equation  R  =  md+,b  is  that  of  a  straight 
line.     Now,  since  the  equation 

270       ^  ^        e    .     g 

m  = andb  =  m  (—4-, 1 )> 

M  c       nc     LA 

air  quantities  involved  in  the  equation  excepting  d  are,  or  are 
assumed  to  be,  constant.  The  data  upon  the  value  of  these 
quantities  have  been  represented  in  graphic  forin  with  all  in- 
fluencing factors  by  the  five  figures  A,  B,  C,  D,  and  E." 


rig.   18.    Diagram  for  Use  with   Cost  Curves.     (Value  of   27d 
Shown  Graphically.) 
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■  Fig  18  indicates  the  time  to  load  1  ou.  yd.  place  measure,  in 
various  kinds  of  material.     Fig.  19  deals  with  the  quantities-  e, 
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Fig.    19.     Diagram    for    Use    with    Cost    Curves.     (Value 
Shown  Graphicsally.) 


of    e 


average  time  shovel  is  interrupted  to  change  trains.  For  use 
in  plotting  the  equation  ahov6,  those  average  values  of  e,  n,  c 
and  f  involved  in   ordinary  contracting  work  where  side  dump 
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cars  are  used,  have  been  tabulated  separately  in  Fig.  19.  It 
will  there;  be  seen  that  the  average  value  for  e,  the'  time  between 
trains  is  4  min.  The  average  number  of  cars  per  train,  or  n^ 
10.  The  commonest  form  of  contractors'  dump  car  is  4  yards 
water  measure  or  2.5  yards  place  measure,  and  therefore  c  is 
taken  as  67.5  cu.  ft.  The  ordinary  value  of  f  is  zero,  since  the 
cars  are  almost  invariably  spotted  while  the  shovel  is-  swinging 


60 


50 


^40 


o30 


H80 


10 


MlN 

BRICK  ViiROS  69.25 

~SAKO  d  OMVEL       81.& 

'IRON  ORE  eo.o 

•TRIPPINQ  79.5 


—PER  CENT  OF  TIME  SHOVEL 
W08K8  PER  DAV 


Diagram  for  Use  with  Cost  Curves. 


(Idle  time  shown  graphically  in  per  cent,  of  total  time  per  day.  Values 
of  '*  i/L  "  to  be  taken  from  this  diagram.  To  find  "  M  "  take  value  plotted 
below  subtract  from  100%  and  multiply  result  by  total  working  time  per 
day,  generally  10  hours.) 

and  digging.  Fig.  20  deals  with  the  value  of  M  or  the  working 
time,  including  actual  shovel  time  waiting  for  trains  and  mov- 
ing up,  but  not  accidental  delays.  Fig.  21  deals  with  the  time 
of  moving  up,  an  average  value  for  which  is  8  min. 

The  constants  having  thus  been  established,  three  sets  of 
curves  have  been  plotted  on  Figs.  22,  23,  24  which  are  cost  curves. 
Each  plate  is  plotted  with  one  of  the  three  values  of  L  A  1,500, 
3,000  and  6,000  cu.  ft.  (L  being  the  average  shovel  move,  6  ft., 
and  A  the  area  of  the  dug  section  in  sq.  ft.).  Each  of  these 
sets  of  curves  has  been  plotted  for  values  of  M,  ranging  from 
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2  hr.  to  10  hr.  by  hourly  iniervals  between  which  intervals  the 
observed  values    (see  Fig.  20)   fall. 

Estimating.  There  are  two  important  uses  to  which  these 
cost  curves  can  conveniently  be  put,'  ( 1 )  estimating  the  cost  of 
proposed  work  and  (2)  checking  up  the  cost  of  work  under  way. 
In  estimating  we  may  proceed  as  follows:  Assuming  that  the 
proposed  work  is  to  be  a  railroad  cut  in  rock,  with  average  equip- 
ment, there  are  then  only  three  quantities  to  decide  upon,  namely, 
LA,  27d,  and  M.  The  area  of  the  shovel  section  being  assumed 
at  250  sq.  ft.  and  the  average  distance  of  move  being  6  ft.,  LA 


TIME  MUST  BE  READ  IN  MINUTES 


Fig.  21.    Diagram  for  Use  with  Cost  curves.     (Value  of  g  Shown 
"  Graphically.     Read  Time  in  Minutes.) 


will  equal  1,500  cu.  ft.  Now  refer  to  Fig.  18,  and  select  a  fair 
value  for  the  time  of  loading  1  cu.  yd.  in  rock  work.  Suppose  30 
sec.  be  chosen.  Next  refer  to  Fig.  20  for  the  proper  value  of 
M  to  use  in  rock  work.  The  average  value  is  8  hr.  ( 80%  of 
10  hr.).  The  cost  per  yard  in  cents  can  now  be  read  directly 
on  cost  curves,  Fig.  23.  With  abscissa  (27d)  as  30  sec.  glance 
upward  till  the  vertical  line  through  30  sec.  intersects  the  8  hr. 
M  line.  Then  on  the  left,  opposite  this  point  of  intersection 
read  9i^  ct.  as  the  cost  per  cu.  yd.  loaded,  place  measure. 

It  may  be  noted  here  that  with  respect  to  the  two  important 
items  of  time  to  load  1  cu.  yd.  with  dipper  and  values  of  M, 
the  cost  curves  are  perfectly  flexible.     Variation  in  the  value  of 
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the  constants' may  be  allowed  for  by  proper  choice  of  M.  In 
connection  with  the  formula  it  is  interesting  to  note  the  effect 
of  decreasing  the  carrying  capacity  of  each  train,  other  con- 
ditions remaining  the  same.  Suppose  the  carrying  capacity  be 
decreased  from  the  average  10  X  2.5  yd.=  25  cu.  yd.  to  8  X  2  ^  16 
cu.  yd.,  place  measure,  what  would  be  the  effect  upon  the  cost 
per  cu,  yd.?  The  new  cost  would  be  10.6  ct.  per  cu.  yd.  as 
against  the  former  9.5  ct.,  an  increase  of  10%. 

To  use  the  cost  curves  for  checking  up  the  cost  of  work  in 
progress,  proceed  as  follows:  The  field  operations  are  few  and 
simple.  Find  the  average  time  per  dipper  swing.  Knowing 
the  rated  capacity  of  the  dipper  and  the  character  of  the  ma- 


0  10         so         so         M         (0         60  TO  80         to         100 

riME  TO  lOAD  I  OU.YO.  I  PUCE  MEASURE  WITH  DIPPER  WORKINS  FREELY  IN  SECONDS 

Fig.  22.     Cost  Curve. 

terial,  a  glance  at  the  tabulation  near  the  top  of  Fig.  18  will 
give  the  ratio  of  dipper  capacity  place  measure  to  dipper  capacity 
water  measure,  and  by  using  this  factor  the  average  factor  of 
dipper  (place  measure)  can  be  obtained,  and  thence  the  time  to 
load  1  cu.  ft.  or  yd.  Suppose,  for  instance,  the  average  time 
per  swing  to  be  25  sec,  in  earth  material,  and  the  capacity  of 
dipper,  2%  yd.  On  Fig.  18,  under  ratio  of  place  measure:  water 
measure,  we  find  the  average  value  is  given  as  0.53.  Therefore,  • 
2^X0.53^1.2  cu.  yd.  per  swing  or  2.88  cu.  yd.  per  min.  or 
0.35  min.  per  cu.  yd.  Make  some  rough  measurements  to  deter- 
mine the  approximate  area  of  the  shovel  section  and  multiply 
this  area  by  the  length  of  move,  and  get  LA,  say  3,000.  Then, 
from  previous  observations  or  by  an  estimate  of  M,  get  the  time 
worked  per  day,  less  accidental  delays,  say  9  hr.     Now  take  the 
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dost  curves,  FJgs.  22  to  24,  and  with  .21  as  abscissa,  read  oppo- 
site the  line,  for  M  =  9  hr.,  6  ct.  as  the  cost  per  yd.  place  measure. 
If  the  contents  in  the  formula  do  not  agree  closely  enough  with 
the  actudl  conditions,  allow  for  this  by  bhoosing  a  suitable  value 
of  M,  or  substitute  directly  in  the  equation  for  cost. 


27Cd       27C 

+ 

M  M 


V  0         nc      '  LA  / 


3'ormula  R  = 

Assume  — 

1  =  0,   interruption  of  shovel  while  spotting  cars. 
8  =  4  min.  time  between  trains.     ( 
n  =  10,  number  of  cars  per  train. 
c  =  2.5  yd.  place  measure  =  6.7  cu.  ft. 
-,.,C.=  5,704  ct.,  daily. cost.' 

M  =  actual  working  time  of  shovel. 

g  =  8  minutes,  see  Pig.  4. 

d  =  Minutes  to  load  1  cu.  ft.  place  measure. 

It  should  be  noted  that  the  above  does  not  include  superin- 
tendence or  overhead  charges  and  covers  only  the  cost  of  loading. 
It  should  be  particularly  noted  that  for  plotting  the  two  co- 
ordinates, certain  assumptions  are  necessary  because  there  are  a 
large  number  of  variables  in  the  theoretical  steam  shovel  formula. 


WHERE  lA  =  BOOO  CU.FT.  EXCAVATION  tO  EACH  SHOVEL  MOVE 


0  10  20  80  40  50  60  70  80  90  100 

TIME  TO  lOAO  1  eU.YO.,  PUQE  MEASURE  WITH  OIPPEB  WOUKINO  FREEIV,  IN  6EC0NDC 


Fig.   23.    Cost   Curves. 


(From   Daily   Qost   "  C."    Itemized    in 

Text.) 


Thus,  the  three  diagrams  are  given  —  one  for  LA  =  1,500,  one 
when  LA  is  3,000  and.  one  where  it  is  6,000.  Also  an  assumption 
of  $57.04  for  the  value  of  C  is  made.  Where  the  shovel  differs 
very  much  in  type  from  the  one  mentioned,  or  where  the  rates  of 
wages  are  very  different  from  those  assumed,  it  will  be  neces- 
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aary  to  compensate  for  the  difference  between  the  new  value  of 
C,  and  the  one  used  here.  The  easiest  way  to  do  this  is  to 
multiply  the  figures  taken  from  the  diagram  by  the  ratio  between 
the  new  value  of  C  and  the  assumed  one.  Thus,  if  the  shovel  costs 
per  day  are  $65  instead  of  $57.04,  and  the  diagram  should  give 
a  cost  for  loading  of  12  ct.,  we  would  have  for  our  charge  12  ct. 
multiplied  by  $65  and  divided  by  $47.04  or  13.67  ct.  per  yd. 

The  quality  and  amount  of  superintendence  will  greatly  affect 
the  unit  costs  of  the  work ;  and  by  superintendence  is  meant,  not 
only  the  man  in  charge,  but  his  whole  directing  organization. 


WHERE  LA'=  eoM  eU.FT.  CXCAVATrOM  TO  EACH  SHOVEl  MOVE 


10  20  80  40  so  00      ,    70  80  M         100 

TIME  TO  lOAD  1  CU.VO.,  PLACE  MEASURE  WITH  DIPPER  WORKINC  FREELV,  IN  BECONm 

Fig.  24.     Cost  Curve.     (Value  Same  as  Figs.  22  and  23.) 


The  work  in  the  iron  ore  country  is  an  example  of  the  work 
which  may  be  accomplished  in  the  way  of  skilled  organization. 
Pure  observation  alone  without  actual  timing  will  not  show  a 
superintendent  whether  it  is  more  economical  for  him  to  use  9 
or  10  car  trains  to  haul  material  away  from  his  shovel.  He 
will  generally  favor  the  use  of  long  trains  if  his  engines  will 
haul  them.  Yet  money  has  been  saved  by  shortening  trains  even 
when  the  engines  could  easily  haul  the  longer  ones.  In  this 
case  the  key  to  the  situation  was  the  time  required  to  dump  and 
transport. 

~     Values   of  e,   n,   c,  f,   involved   in    ordinary   contracting   work  with   side 
dump  cars.  , 

e    =  Average  time   sliovel  is  interrupted  to  cliange  trains. 

n   =  Number  of  ears  per  train. 

c    —  Capacity  of  cars  in  cu.  ft.    (place  measure). 

f    =  Time  to  spot  one  car. 

c'  =:  Capacity  of  cars  in  eu.  ft.,  (water  measure). 
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Values  of  n  Values  of  c 

Min.    Avg.    Max.  Min.      Avg.    Max.  /  r.' 

Brick  yard  clay   1        1-2          2  54           72        81  Zero  ... 

R.  R.  borrow  pits   7         11           15  83.7       126       270  .    ■  151 

^oe^  ™«s.   ■•••  J           8  12         54  75-  97.2  ,188 

Crushed    stone    quarries  1  10  10  108  124  189  162 

Earth  and  glacial  drift.  10  10-11  13         70  108  141  157 

Iron^  ore    (Minn.)    3           7  12  270.  540  675  540 

Sand  and  gravel  pit  ...  1           7  15         67.5  598  891 

General  average  of  e,  n,  e,  f,  c',  as  follows 

No.  of  Obs.  Minimum  Average                  Maximum 

e                      35  .25  min.  4.00  min.  13.5-  min 

"                     w  ,5.0    cars  10.00  cars  15.0    cars 

/                       0  0  0                               0 

",                     ?^  ^       yd.  4,00  yd.  10.00  yd. 

«'.  ,                   27  4       yd.  5.00  yd.  12.00  yd. 

"Z"'                 27  O.S  0.8                             0.95 

Repairs  of  Steam  Shovels,  Cars  and  locomotives  on  the 
Panama  Canal.  The  following  is  an  abstract  of  the  "Annual 
Report  of  the  Isthmian  Canal  Commission ''  printed  in  Engineer- 
ing and  ContrlacHng,  Dec.  22,   1909: 

According  Jo  the  last  annual  report  of  the  Isthmian  Canal 
Commission,  the  following  were  the  principal  items  of  equipment 
used  in  excavating  and  transporting  earth  and  rock,  on  June  30, 
1909; 

TABLE  FOR  USE  WITH  COST  CURVES 

Steam  Shovels: 

1  (20-ton)   shovel,  l^-yd.  dipper  $       5,788 

10- (45-ton)   shovels,  1%-yd.  dipper,  at  $7,100 71,000 

42  (70-ton)  shovels,  2%-yd.  dipper,   at  $9,381   494,002 

47  (95-ton)   shovels,  S-yd.  dipper,  «t  $12,760  599,720 

^  100  total  steam  shovels,  at  $11,705  $1,170,510 

Locomotives : 

119  French  locomotives,  at  $4,250   $'505,750 

164  American  locomotives,  at  $11,600  1,902,400 


2S3  Total  locomotives,   at  8,509   $2,408,150 

Cars:  .    , 

621  French  dump  cars  at  $225  $    139.725 

1,324  American  dump  cars  at  $1,400  1,853,600 

1,765  wooden  flat  cars  at  $1,050  1,853,250 

500  steel  flat  cars  at  $861 430,500 

35  narrow  gauge  cars  at  $227 7,945 


4,245  Total  cars  at  $1,010  $4,285,020 

Unloaders,  etc.: 

30  Lidgerwood  unloaders  at  $5,000 $    150,000 

46  unloading  plows  at  $950  43,700 

24  bank  spreaders  at  $5,200;.. •... 124,800 

10  track  shifters  at  $4,050   40,500 

16  pile  drivers  at  $3,700 59,200 

Total  unloaders,  etc $   418,200 

Grand  total $8,281,880 


414.      HANDBOOK  OP  BAETH  EXCAVATION 

The  100  steam  shovels  averaged  a  78-ton  weight,  and  a  first 
cost  of  $140^  per  ton;  and  daily  repair  cost  of  about  $25,^ 
-'    The  prices  paid  for  this  plant  include  the  cost  of  delivery  at, 
Colon. 

The  cost  of  .shop  repairs  made  by  the  mechanical  division  dur- 
ing the  year  on  the  different  units  of  equipment  enumerated  in  the 
above  table,  including  direct  and  overhead  charges,  was  as 
follows: 

Each  per 
, annum 

283  locomotives   (93  repairs  on  each)    ^■''???     ' 

4,210  freight  cars   (29>^  repairs  on  each)    ;■•■  IBO 

119  lyork  cars  (7  repairs  on  each)   •  s^»  , 

100  steam  shovels   (shop  repairs  only)   l.Slb 

Thfe  total  shop  repairs  on  these  locomotives,  cars  and  steam 
shovels  amounted  to  $1,217,058  for  the  year,  not ;  including  field 
repairs  on  the  steam  shovels.  While  the  report  does  not  give 
field  repairs,  we  have  included  here  some  data  taken  from  thp 
Oanal  Record  and  published  in  our  issue  of  Oct.  20,  1909. 
The  shop  cost  does  not  include  the  cost  of  repairi  made  in  the 
field  or  that  of  repairs  made  to  steam  shovel  parts  taken  to  the 
shops  while  the  shovel  is  kept  in  service  by  substituting  other 
parts.  These  repairs  are  k;riown  as  field  repairs  and  are  made  in 
the  field  shops  and  on  the  work,  often  while  the  shovel  is  waiting 
for  cars.  The  cost  of  steam  shovel  repairs  in  the  three  con- 
struction divisions  from  January,  1908,  to  June,  1909,  inclusive, 
a  period  of  18  months,  was  3.03  ct.  ,per  cu.  yd.  for  33,882,000 
cu.  yd. 


-Divisions- 


Item                                     Central  Atlantic            Papific  Total 

Cubic   yards    27,752,750           4,148,997           1,980,069  33,881,816 

Field  cost    $596,059,02  $51,786,74  $19,917.58  $667,763.34 

Shop   cost    $283,746.76  $51,782.61  $22,246.75  $357,776.12 


Cost  per  cu.  yd.  Ct.  Ct.  Ct.  Ct. 

Field 2,14  1.25  1.01  1.97 

Shop 1.02  1.25  1.12  1.06 


Total 3.16  2.50  2.13  3.03 

The  '  shovels  in  the  Central  Division  are  subjected  to  harder 
and  more  constant  usage  than  those  of  the  other  two  divisions. 
Of  the  101  steam  shovels  in  the  Canal  and  Panama  rkilroad  serv- 
ice 61  are  in  the  service  of  the  Central  Division,  most  of  them 
in  Culebra  Cut.      r 

The  repairs  on  locomotives  and  cars  include  field-  repairs  as 
well  as  shop  repairs.  It  will  be  noted  that  locomotive  repairs 
amounted  to  141/^%  of  the  first  cost  of  the  locomotives.  This 
is  about  the  percehtagie  it  costs  to  maintain  railway  locomotives 
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in  America,  exclusive  of  entire  renewals  of  worn  out  equipment, 
but  the  report  does  not  give  the  weights  of  locomotives,  so  it 
can  not  be  determined  whether  the  price  of  the  J^rengh  locomo- 
tives is  a  second-hand  price  or  not.  As  the  locomotives  grow 
older,  the  cost  of  repairs  will  increase,  unless  the  elficiency  of 
the  men  engaged  in  repair  work  increases. 

The  total  cost  of  repairing  cars  was  about  15%  of  the  first 
cost. 

The  shop  cost  of  repairing  steam  shovels  was  17%  of  the  first 
cost.  The  average  shovel  has  been  put  into  the  shop  for  general 
repairs  once  in  24  months,  and  that  $3,8D0  was  speijt  on  each 
shovel  during  such  period  of  general  repairs;  As  above  shown, 
the  field  repairs  averaged  twice  as  much  as  the  shop  repairs ; 
hence  the  combined  annual  field  and  shop  repairs  totaled  50% 
of  the  first  cost,  of  the  shovels. 

For  total  "  maintenance  and  repairs,"  the  mechanica,l  depart- 
ment expended  the  following  sum  during  the  year: 

materials ?    595,050 

Latior 1,245,448 

Total    ..' .' $1,840,498 

This  is  $623,000  more  than  the  total  cost  spent  on  the  steam 
shovels,  locomotives  and  cars,  and  probably  covers  repairs  to  all 
other  parts  of  the  plant,  including  rock  drills,  etc. 

Expenditures  of  the  mechanical  department  for  work  done  for 
"other  departments"  was  $1,504,315,  but  this  is  not  itemized. 

The  monthly  payroll  of  the  mechanical  department  was  $159,- 
934,  for  2,125  employees.  The  following  rates  of  wages  were 
paid,  and  the  percentage  by  which  their  wages  exceed  those 
paid  in  the  U.  S.  navy  yards: 

Wage,         Per  cent. 
.     Blacksmith  —  8  hr,  increase 

59  general     ' $4.74  31 

5  machine     ;      5.25  37 

Shriek  layers  or  masons   5.76  19 

138  hoiler  makers    (general)    4,86  41 

180  carpenters    (house)    6:36  62 

34  molders    (loam)    , 5.47  51 

26  painters    (house)    5.06  ,55                 ^ 

6  pattern  makers '6.1S  52 

33  pipe  fitters   5.15  44 

33  plumbers    (house)    5.92  55 

.  -  2  tinsmiths 5.52  62 

'  ,    , .  .;; ,.; ,  7  coppersmiths    5.33  42  ,  , 

'   5  engineers    (steam)     4.77  4,0 

Machinists  —  , 

269  general    ....-•. '. 4.91  37 

■     BSfloor  hands'!.. ,  5.10  43 

38  tool  hands    4.82  33 

33  wire   men    (electric)    4.93  46 

'  929  total. 
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"So  far  as  hourly  rates  oj  pay  for  'gold'  employees  are  con- 
cerned', the  first-class  pay  remains  almost  uniformly  65  ct.  an 
hour   ($5.20  for  8  hr.)." 

The  •  following  data  are  taken  from  the  Panama  Canal 
special  issue  (66  pages)  of  Engineering  and  Contracting,  Jan.  7, 
1914. 

Five  sizes  of  shovels  were  employed  as  follows: 

Dipper 

Name  -  capacity 

45-ton   Bucyrus    l^Zla 

70-toii   Bucyrus    • ?™  ""•  Jj 

■        95-ton    Bucyrus    t,  2.^' ^f 

No.  60  Marion   f^  Zl^' 

No.  91  Marion   ; 5      cu.  ya. 

The  number  of  each  type  used  each;  year  varied;  the  number 
of  all  shovels  used  each  year  and  the  average  output  of  all 
shovels  are  given  in  Table  I. 

These  performance  records  and  all  others  which  will  be  stated 
are  based  on  an  8-hr.  working  day.  The  best  performances  per 
day,  month  and  year  of  steam  shovels  of  the  sizes  named  above 
for  the  five  years  are  given  in  Table'  II. 

■  Maintenance  of  Shovels.  Steam  shovels  were  maintained  by 
shop  and  field  repairs.  Priod  to  Oct.  1,  1909,  all  shop  repairs  of 
steam  shovels  were  made  at  the  Empire  shops  and  were  in  charge 
of  the  Mechanical  Division  and  all  field  repairs  were  made  by 
the  construction  division.  On  the  date  named  the  Empire  Shops 
were  removed  from  the  direction  of  the  Mechanical  Division  and 
transferred  to  the  Central  Division,  and  were  made  virtually- 
steam  shovel  repair  shops  for  the  whole  canal. 

A  field  repair  system  was  begun  Nov.  5,  1907,  and  it  comprised 
a  force  of  boiler  workers,  pipefitters,  machinists  and  helpers 
who  made  all  repairs  at  night  after  the  shovels  were  shut  down. 
The  force  was  divided  into  three  gangs,  each  covering  a  certain 
section  of  the  excavation.  A  machine  shop  car,  equipped  with  a 
forge,  drill  and  shaper  and  carrying  necessary  small  tools,  and  a 
locomotive  crane  constituted  the  field  repair  plant.  The  field 
repairs  included  replacing  and  repairing  circles,  booms,  dippers 
and  dipper  sticks.  A-frames,  hoisting  drums,  main  and  pro- 
peller shafts,  swinging  drums,  intermediate  shafts,  water  tanks, 
feed  pumps  and  trucks  and  in  one  or  two  cases  even  renewal  of 
boilers.  In  fact  it  was  seldom  that  a  shovel  was  sent  to  the 
shops  for  repairs  short  of  complete  overhauling.  The  nvimbers 
of  shovela  repaired  per  night  by  the  field  repair- gangs  run  from 
14  to  20. 
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The  cost  of  shop  and  field  repairs  per  steam  shovel  per  service 
day  from  June  1,  1910,  to  July  1,  1912,  was  as  follows: 

'  Six  months  to  July  I,  1910  $27.66 

July  1,  1910,  to  July  1,  1911  > 22,21 

July  1,  1911,  to  July  1",  1912  22.95 

The  cost  of  excavating  the  soft  rock  of  the  Culebra  Cut  was  as 
follows  in  1911  and  1912: 

1911  1912 

Clearing     $0.0001 

Brilling    $0.0503  .0535 

Blasting 0547  .0622 

Loading    ....'. 0493^  .0492- 

Tracks -.1014  .0885 

Transportation     0816  .0734 

Dumps 0488  .0423 

Pumps     0038  .0041 

Maintenance  of  equipment   0875  ^243 

Plant,    arbitrary 1000  .0394 

Division    expenses    0128  .0145 

Administration 0462  .0364 

Total    $0.6364  $0.5479 

Prices  of  Standard  Bailroad  Shovels.  The  follbwing  is  taken 
from  R.  T.  Dana's  "  Handbook  of  Construction  Plant."  About 
the  most  powerful  steam  shovel  built  for  ordinary  grading  weighs 
95  tons,  and  for  general  work  a  5-yd.  dipper  may,  be  used,  but 
for  iron  ore  or  shale  an  extra  heavy  one  of  21^  or  3l^-yd.  capa- 
city is  better.  '  The  clear  lift  from  the  rail  to  the  bottom  of  the 
open  dipper  door  is  16  ft.  6  in.  and  the  maximum  width  of  cut 
8  ft.  above  the  rail  is  60  ft.  This  95-ton  shovel  has  a  record 
output  of  four  to  five  thousand  yards  per  day. 

A  steam  shovel  adapted  to  extra  hard  condidtions  is  the  80-ton; 
the  bucket  used  is  generally  3  eu.  yd.  for  rock  work  or  4  yd.  for 
earth.     The  clear  lift  is  16  ft.  and  the  width  of  cut  60  ft. 

A  70-ton  shovel  is  the  one  most  in  demand  for  heavy  work 
under  average  conditions.  It  carries  a  2  to  3%-yd.  dipper;  the 
clear  lift  is  16  ft.  6  in.;  width  of  cut,  60  ft. 

For.-  work  where  the  depth  or  amount  of  excavation  is  not 
great  enough  to  warrant  a  70-ton  shovel  a  60-ton  is  more  eco- 
nomical. A  214-eu.  yd.  dipper  is  generally  used;  clear  lift,  15 
ft.;   width,  54  ft. 

A  45-ton  shovel  is  designed  for  use  on  fairly  heavy  work,  but 
where  lightness  and  ease  of  transportation  are  essential.  Capa- 
city of  dipper,  2  yd.;  clear  lift,  14  ft.;  width  of  cut,  50  ft.  A 
40-ton  shovel  is  designed  for  lighter  work  or  sewer  excavation. 

The  prewar  price  of  steam  shovels  was  as  follows: 
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Weight  1914  Price 

120  tons  $14,600 

95  tons  : 12,700 

85  tons  ......'  11,260 

,     70  tons  ....■...: 9,250 

60  tons  8,600 

46  tons  i 7,000 

40  tons  ...1 6,500  i 

Shovels  fitted  with  electric  motors  cost  foom  $1,000  to  $2,500 
more  than  steam-driven  shovels. 

[The  prices  in  June,  1919,  were  about  2,5  times  those  of ,  1914, 
bpth,  fqr  ^teapi  shovels  a,nd  dinkeys.  Dump  ears  dpubledin  price 
d,uring,  the.war.]       .    ■.,         ,  ,. 

;  From  observations  made  on  50  steam  shovels  in  actual  operation 
during  a  considerable  number  pi  weeks  the  avera.ge  number  of 
cubic  yards  per  day  excavated  by  all  shovels  in  all  materials  was 
934.  This  is  perhaps  leas  than  may  l^e  ,  expected  on  a  well- 
managed  Jol)..   A   shpvel   should  load,  a  dipper  ,60%    full  every 


Fig.  25.     95C  Bueyrus  Steam  Shovel. 


20  sec.  while  actually  working.  About  50%  of  the  time  the 
shovel  isheld  up  by  various  causes,  such  as  waiting  for  trains, 
moving  ahead,  waiting  for  blasts,  and  making  repairs.  With  a 
25,^-y d.  dipper  a  shovel  should,  therefore/  excavate   1,350  cu.  yd. 

inaO'hr.    '    -    .' :?;■-,  .; 

The  maximum  width  of  cut  given  by  shovel  manufacturers  is 
far  greater  than  the  actual  average  as  recorded  in  observations 
made  ^ by  the  author  70 !  to  95-toii' shovels  make  an  average, cut 
of  28%  ft.  -pfide.  With  a  30  or  40-ton  shovel  the  average  out  is 
not  much  more  than  20  ft.  in  width.        '        :■ 
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45,  60  and  70-ton  shovels  equipped  with  dij)per  handles  45  to 
55  ft.  long  are  used  for  excavating  large  trenches.  A  70-ton 
shovel  was  employed  in  excavating  a  sewer  trench  16  ft.  wide 
by  26  ft.  deep  in  Chicago  in  1909.  This  shovel  was  of  the  latest 
design,  equipped  with  a  54-ft.  dipper  handle  and  a  2-yd.  dipper, 
with  the  operating  levers  placed  far  forward  so  as  to  enable  the 
runner  to  see  the  bottom  of  the  trench.  The  shovel  had  been 
removed  from  its  trucks  and  mounted  on  a  footing,  24  ft.  wide 
by  38  ft.  long,  of  heavy  wood  beams  trussed  with  steel  rods. 
This  platform  rested  on  rollers,  which  in  turn  rested  on  running 
planks  laid  on  the  trench  bank.  To  move  the  shovel  a  Cable 
was  attached  to  a  dead  man  and  wound  up  by  the  shovel  engine. 
The  average  length  of  forward  move  was  15  ft.  The  shovel 
moved  back  416  ft.  in  3\^  hr.  569  cu.  yd.  were  loaded  in  a  day 
into  ,4  and  6-yd.  narrow  gauge  cars  drawn  by  18-ton  dinkeys. 
The  crew  consisted  of  1  engineman,  1  craneman,  1  fireman,  and 
7  roller  men.  In  addition  6  trimmers,  6  bracers,  and  1  foreman 
were  employed  on  the  excavation. 

For  digging  trenches  in  ground  where  it  would  not  be  safe 
to  support  the  shovel  on  the  banks,  however  well  sheeted  the 
trench  might  be,  an  arrangement  which  allows  the  shovel  to 
dig  backward  is  sometimes  used.  This  consists  of  an  extension 
boom  at  the  end  of  and  in  line  with  the  main  boom,  but  slanting 
downward  at  an  angle  of  about  45°  to  the  perpendicular.  On  the 
lower  end  of  this  are  placed  the  crowding  engines,  reversed  from 
their  usual  position,  thus  pointing  the  dipper  mouth  towards  the 
shovel.  This  allows  the  shovel  to  remain  ahead  of  the  trench 
on  solid  ground.  A  46-ton  shovel  equipped  in  this  manner  cost 
$9,000  in  1909. 

Where  a  through  cut  is  being  made,  the  excavation  is  often 
too  narrow  to  permit  the  shovel  to  turn  around  and  excavate 
the  next  cut  in  an  opposite  direction,  but  necessitating  the  return 
of  the  machine  backward  to  the  starting  point  for  the  next  cut. 
Sometimes  this  return  is  3  or  4  miles  long  and  costs  considerable 
in  lost  time  as  well  as  money.  In  such  a  situation  the  shovel 
should  be  equipped  with  a  ball  socket,  which  allows  it  to  be 
jacked  up  and  revolved  on  the  forward  trucks  while  being  held 
in  equilibrium  by  the  weight  of  the  extended  bucket  and  dipper. 
This  equipment  costs  about  $500  extra. 

Steam  Shovel  Dippers.  Old  style  dippers  were  made  of  plates 
and  forgings.  Modern  dippers  have  special  steel  front  castings 
and  cast  steel  backs.  Solid  forged  steel  teeth  are  generally 
used,  although  teeth  of  manganese  and  other  special  steels  are 
sometimes  used.  In  trench  work  teeth  are  often  provided  at 
the  sides  of  the  dipper  as  well  as  in  front  in  order  to  cut  a 
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straight  vertical  bank.  The  author  has  found  it  well  to  point 
the  outside  front  teeth  outward  in  some  soils.  In  most  work  the 
hoisting  line  is  fastened  to  the  dipper  bail,  but  in  trench  work 
the  bail  is  sometimes  omitted  and  the  hoisting  line  is  connected 
to  the  back  of  the  dipper.  For,  soft  material  the  teeth  are  re- 
placed by  a  lip  or  cutting  edge. 

A  Manganese  Steel  Dipper.  Engineering  and  Contracting,  July 
17,  1912,  gives  the  following: 

Three  new  steam  shovel  dippers  known  as  the  "  Missabe  "  were 
put  in  service  at  Panama.  Every  part  of  the  dipper,  including 
the  back,  is  of  cast  manganese  steel.  This  insures  durability 
and  a  minimum  cost  in  repairs,  owing  to  the  toughness  and 
wearing  quality  of  this  metal. 

The  dipper  body  is  composed  of  only  two  castings  —  the  front 
and  back  halves,  this  giving  great  rigidity  and  eliminating  the 
working  and  straining  of  the  parts  which,  in  the  dipper  built  up 
of  plates,  tends  to  cause  loosening  of  rivets.  The  bail  brackets 
are  set  at  an  angle  conforming  "to  the  line  of  pull  on  the  bail, 
and  by  putting  them  against  projecting  shoulders  cast  on  the 
sides  of  the  front  casting  the  shearing  strain  is  relieved  froi^ 
-the  b^il  bracket  rivets. 

Another  feature  is  the  placing  of  the  joint,  between  the  front 
and  back  casting,  behind  the  bail  bracket  so  that  the  digging 
strain  does  not  tend  to  pull  the  dipper  apart.  The  teeth  *are 
riveted  on  as  usual,  but  are  held  unusually  rigid  by  means  of 
notches  in  the  Up  and  shelf  or  offset  on  the  outside  of  the  lip, 
upon  which  rests  that  portion  of  the  tooth  which  is  on  the  out- 
,side  of  the  lip. 

When  extra  protection  for  the  front  of  the  dipper  is  desired,  a 
renewable  bottom  band  as  well  as  runners  or  shoes  can  be  fur- 
nished when  desired,  or  they  may  be  cast  integrally  with  the 
dipper  front.  All  pin  holes  in  bails,  hinge  brackets  and  dipper 
stick  brackets  are  provided  with  renewable  bushings. 

This  dipper  is  built  in  all  sizes  for  the  various  makes  of  steam 
sftovels  and  dipper  dredges,  and  is  claimed  by  the  manufacturers 
to  have  a  life  of  three  or  four  times  that  of  the  built-up  type. 
It  is  manufactured  by  the  Edgar  Allen  American  Manganese 
Steel  Co.,  Chicago,  111. 

Designs  of  Dipper  Trips.  Engineering  and  Contracting,  Nov. 
29,  1911,  gives  the  following: 

When  the  shovels  arrived  on  the  Isthmus  of  Panama  they 
were  equipped  with  a  single  lever  latch  operated  by  a  1%-in. 
rope  in  the  hand  of  the  craneman,  and  attached  at  its  other 
end  to  the  "  trip  "  of  the  dipper.  Several  pulls  were  often  neces- 
sary to  open  the  latchj  and  almost  invariably  a  great  effort  was 
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required.  The  string  by  which  this  "  trip  "  was  operated  passed 
through  a  sheave  on  the  dipper  stick  near  the  dipper  and  thence 
to  the  craneraan's  hand. 

The  first  improvement  was  to  compound  this  original  "trip," 
and  in  the  drawing  herewith,  Fig.  26,  the  compound  "  trip  "  is 
shown.  The  original  was  the  simple  level  with  the  fulcrurii  at  a, 
the  weight  at  6  and  the  power  at  o.  In  the  compound  "trip," 
another  fulcrum  was  made  at  d  and  the  power  was  applied  at  e, 
where  the  line  was  attached.  By  this  device  a  movement  of  20 
in.  in  the  line  resulted  in  a  l-in.  movement  of  the  latch. 


Fig.  26.     Door  of  Dipper  of  95-Ton  Shovel  Showing  Compound 
Latch  Trip. 


Among  improvements  upon  the  compound  device,  one  that  was 
given  a  trial  in  1909  was  the  "  spring  trip  "  which  consisted  of 
the  lever  shown  by  Fig."  27  and  a  bar  passing  through  a  slot  in 
the  latch,  with  a  spring  attached  at  its  outer  end,  the  power  for 
unlatching  being  supplied  by  the  spring.  The  rope  by  which  the 
"  trip  "  is  operated  is  attached  at  by  the  fulcrums  are  at  c  and  d; 
at  o  is  a  toggle  joint;  at  e  the  weight;  at  /  the  power  applied  by 
the  spririg.  The  door  is  closed  by  its  own  weight,  When  in 
digging  position,  placing  a  tension  of  1,300  lb.  upon  the  spring, 
and  drawing  the  toggle  joint  erect.  When  the  dipper  is  in  dump- 
ing position,  the  craneman  pulls  the  rope,  thereby  breaking  the 
toggle  joint  and  allowing  the  spring  to  exert  its  pull  upon  the 
latch,  which  flies  back,  permitting  the  dipper  to  empty.  The 
spring  required  was  of  %-in.  wire,  31  coils,  2:^-in.  outside  diam- 
eter, arid  21   in.  long  when  free.     This  device  worked   satisfac- 
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torily,  but  the  toggle  joint  required  constant  renewing,  and  some 
difficulty  was  experienced  in  obtaining  suitable  spring,  so  that 
the  appliance  was  finally  abandoned. 

The  first  steam  power  trip  was  a  device  placed  upon  his  shovel 
by  Thomas  Custy,  a  steamshovel  engineer,  in  1908,  but  after  a 
few  months'  trial  this  was  discarded.  This  device  was  im- 
proved upon  by  A.  H.  Geddes,  also  a  steamshovel  engineer,  until 
it  became  practicable,  and  a  patent  has  been  granted  to  him.  It 
was  described  at  length  in  Engineering  and  Contraieting,  issue 
of  May  31,  1911.  In  this  device  a  steam  cylinder  is  located 
on  the  dipper  stick  near  the  dipper,  the  piston  is  connected  with 
the  dipper  latch  through  a  chain  and  a  series  of  levers,  and  when 


Fig.  27. 


Portion  of  Steam  Shovel  Dipper  Door  Showing  Arrange- 
ment of  Spring  Latch.    , 


steam  is  admitted  to  the  cylinder  the  thrust  of  the  piston  operates 
the  levers  and  unlatches  the  door.  Steam  is  admitted  and  ex- 
hausted, from  the  cylinder  through  a  three-way  valve  located 
on  the  boom  beside  the  craneman's  seat.  A  steam  pipe  extends 
from  the  valve  along  the  boom  opposite  the  dipper  stick  slat,  and 
at  the  end  of  this  pipe,  and  on  the  cylinder,  are  universa,l 
joints  which  are  connected  with  one  another  by  a  flexible  hose. 
After  a  thorough  trial  this  device  was  adopted,  upon  the  recom- 
mendation of  a  committee  of  two  mechanical  experts  and  a  steam- 
shovel engineer,  who  reported  that  the  capacity  of  a  shovel  was 
increased  100  cu.  yd.  a  day  by  its  use. 

The   latest   device,    that    shown    in    the    illustration,    was    in- 
vented by  F.  S.  Wichman  of  the  Mechanical  Division.     The  latch 
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is  opened  by  a  pull  that  is  jnads  on  a  %-in.  wire  rope  by  the 
outward  thrust  of  the  piston  of  an  air-brake  cylinder.  The 
mechanism  is  fixed  upon  the  boom  of  the  shovel.  A  djrum  is 
mounted  upon  the  face  of  the  thrusting  gear,  or  shipper  shaft, 
which  revolves  with  the  shaft,  thus  winding  or  unwinding  the 
tripper  rope,  according  as  the  dipper  shaft  moves  up  or  down. 
In  this-  way  the  rope  is  kept  taut  at  all  times.  To  give  the 
lengthwise  pull  of  the  cable,  a  6-in.  diameter  steam  cylinder  is 
mounted  below  the  drum.  This  cylinder  has  a  push  piston,  the 
outer  end  t)f  which  is  bifurcated  to  receive  a  sheave,  over  which 


Fig.  28.     Steam  Shovel  Boom  Showing  Dipper  Stick,  Dipper  and 
Operating  Gear  with  Wichman   Tripping  Device. 


the  cable  passes  on  its  way  to  the  drum.  Steam  is  admitted  to 
the  cylinder,  when  it  is  desired  to  trip  the  dipper  door, .  through 
a  three-way  cock,  operated  by  a  lever  at  the  craneman's  seat. 
When  the  steam  Sxhatists,  the  spring  in  the  cylinder  pulls  the 
piston  back  into  position,  and  the  tripping  Operation  may  then 
be  repeated.  This  device  has  undergone  a  successful  test  on  two 
95-ton  steamshovels. 

The  dippers  trip  selected  as  the  best  by  the  above  described 
tests  has  been  put  on  the  market  by  the  Lines  Flyn  Co,,  of 
New  York  City.      '  • 

fi.  Kail  Clamp  for  Steam  Shovels  and  Cars.    The  following  ap- 
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peared  in  Engineering  and  Contracting,  July  1,  1914.  An  ad- 
justable rail  clamp  which  will  fit  any  rail  from  60  to  100  lb. 
is  made  in  two  styles  for  33-in.  and  ,28-iii.  wheels.     It  clamps  the 


Bottom  View  of  Box 


Side  View  of  Box 
Fig.    29.     Adjustable   Rail   Clamp   for   Steam   Shovel   and   Cars. 


Fig.  30.    Bates  Rail  Clamp  for  Steam  Shovels. 

head  of  the  rail  and  so  can  be  attached  anywhere  regardless 
of  tie  "spacing.  The  bfattom  bar  of  the  box  holds  the  jaws  spread 
when  the  clamp  is  being  placed  on  or  lifted  frOm  the  rail;    a 
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hammer  Mow  loosens  or  tightens  the  wedge  (Fig.  20). _  All 
parts  are  made  of  cast  steel.  The  price  of  the  clamp  is  .f  15.  It 
is  made  by  the  M.  &  M.  Rail  Clamp  Co.,  Pittsburgh.  Pa. 

Another  steam  shovel  rail  clamp  woiks  like  a  pair  of  ice  tongs. 
If  grips  the  hall-  of  the  rail  and  the  wedge  is  driven  across  the 
top  of  the  rail;  it  can  therefore  be  placed  anywhere  on  the 
rail,  even  directly  over  a  cross-tie,  as  in  Fig.  30.  There  are  only 
two  parts,  the  wedge  of  hardened  steel  and  the  tongs  which  are- 
'  steel  castings  hinged  by  a  heavy  pin.  These  clamps  are  made 
in  three  sizes  (for  5Q-60-lb.,  70-80-lb.,  and  90-106-lb.  rails)  by 
the  Bucyrus  Co.,  South  Milwaukee,  Wis. 

A  Flexible  Rail  Joint.  Engineering  and  Contracting,  March 
18,  1914,  gives  the  following: 

The  construction  and.  operation  of  the  Thull  joint  for  steam 


Fig.  31.    Side  Elevation  and  Horizontal   Section  of  Thull  Rail 

Joint. 


shovel  tracks  are  indicated  in  Fig.  31.  It  consists  of  a  male 
casting  A  and  a  female  casting  B.  These  castings  are  bolted  to 
the  rail  ends  and  are  hinged  by  a  bolt  C  as  shown  by  the  draw- 
ings. The  hinge  C  provides  for  joint  rotations,  in  the  vertical 
plane;  lateral  flexibility  is  provided  by  the  beveling  of  the  socket 
and  other  parts  by  which  the  two  castings  engage.  A  track  spike 
dropped  into  each  of  the  notches  D  and  E  prevents  lateral  move- 
ment  while   allowing   vertical   rotations.     The   other    structural 
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details  are  plain  from  the  drawings.  This  joint  has  been 
patented. 

A  Device  for  lifting  Jack  Blocks.  Engmeermg  and  Contract- 
ing, Dec.  11,  1912,  gives  the  following: 

A  simple  -device  for  lifting  jack  blocks  so  that  they  are  pulled 
ahead  by  the  steam  shovel  itself  as  it  is  advanced  for  _a  new 
cut  as  illustrated  in  Fig.  32.  This  device  has  been  used  for 
some  time  at  Lockport,  111.,  where  the  Lincoln  Park  Commis- 
siqn  of  Chicago  has  a  shovel  and  plant  for  excavating  and  loading 
black  soil  .for  park  surfacing,-  and  it  is  the  invention  of  Mr. 
George  T.  Dows,  the  superintendent  in  charge  of  th&  shovel  and 
plant.  We  are  indebted  to  Mr.  Dows  for  sketches  and  an 
explanation  of  the  device. 


Fig.  32.     Device  for  Lifting  and  Moving  Steam  Shovel  Jack  Blocks. 


Referring  to  the  sketches :  A  indicates  the  end  of  a  Vulcan 
shovel  jack  arm  with  jack  stfrew,  shoe  and  blocking  in-working 
position;  B  is  a  %  x  2-in.  steel  bar  4  ft.  long  called  a  fulcrun;i  bar 
and  C  is  a  %  X  2-in.  bar  6  ft.  long  called ,  the  lever  bar.  The 
fulcrum  bar  rests  across  the  top  of  the  pick,  arm  when  it  is 
held  in  position  by  the  "l.;g"  D  and  the  "  latch  "  £.  The 
"latch "  has  a  hook  at  its  top  and  an  eye  at  its  bottom.  In 
the  Vulcan  jack  arm,  for  which  the  device  was  designed,  the 
bolt  F  passes  through  the  eye  of  the  "latch";  in  other  makes 
of  jack  .arms  which  do  not  have  bolts,  some  other  fastening 
must  be  devised.  The  lever  bar  is  hinged  to  the  fulcrum  bar 
as  indicated  by  the  sketch;  it  has  a  hook  at  one  end  and  an 
eye  or  hand  hole  at  the  opposite  end.  A  small  rope  hangs  from 
the  hook  end  and  is  attached  to,  an  eye  bolt  set  through  the  jack 
block.  The  first  sketch  shows  the  position  of  the  jack  and  block- 
ing when  the  shovel  is  working.  When  abqut  to  move  the  s(iovel 
ahead  the  jack  screw  is  loosened  and  the  blocking  6  is  slid  from 
under  the  shoe.     The  lever  bar  0  is  depressed  and  locked  to  the 
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fulcrum  bar  by  means  of  the  "hook  ff.  This  raises  the  jack  block 
to  the  position  sliown  by  the  second  sketch  and  in  this  position 
it  is  Easily  dragged  ahead  by  the  shovel  as  it  moves  up  to  the 
new  cut.  A  series  of  operations  in  reverse  to  those  just  out- 
lined adjusts  the  blocking  and  jack  for  the  new  working  posi- 
tioij.    .  » 

Specifications  for  Steam  Shovel  Construction.  Engineering  and 
Gontfacting,  May  1,  1909,  prints  an  abstract  of  a  report  by  the 
Committee  on  Roadway  of  the  American  Railway  Engineering 
and  Maintenance  of  Way  Association: 

One  of  the  tasks  allotted  to  this  committee  was  to  submit 
general  specifications  for  a  modern  steam  shovel  for  roadway 
construction  and  blanks  to  show  the  results  of  steam  shovel  work, 
including  quantity  of  material  moved  and  itemized  cost  of  re- 
moval. The  committee  sought  the  opinion  of  the  association's 
members  by  means  of  a  circular  letter  of  inquiry  and  bases 
its  recommendations  on  the  replies  received.  The  questions,  the 
answers  received  to  them  and  the  decision  of  the  committee  are 
summarized  in  the  following  paragraphs : 

Irrespective  of  the  use,  there .  are  4hree  important  cardinal 
points  that  should  be  given  careful  attention  in  the  selection 
of  any  and  all  machines  of  this  class.  These  are  in  their  order: 
(1)  Care  in  the  selection  "and  inspection  and  acceptance  of  all 
material  that  enters  into  every  part  of  the  machine.  (2)  Design 
for  strength.      (3)    Design  for  production. 

With  the  foregoing  fixed  firmly  in  mind,  we  submit  specifica- 
tions for  a  Standard  Shovel,  which  we  believe  will  meet  the 
largest  requirements  for  "  General  Roadway  Construction." 

WeigM.  Shovels  varying  in  weight  from  25  to  90  tons  are 
recommended.     The  committee  recommends  70  tons. 

Capacity  of  Dipper.  Replies  received  vary  from  1^,  cu.  yd.  to 
5  eu.  yd.     The  committee  recommends  2]^  cu.  yd. 

Steam  Pressure.  From  100  lb.  to  200  lb.  is  recommended.  The 
committee  recommends  120  lb. 

Clear  Height  Above  Rail  of  Shovel  Track  at  Which  Dipper 
Unloads.  This  height  is  recommended  at  different  points,  vary- 
ing from  8  ft.  to  18  ft.     The  committer  recommends  16  ft. 

Depth  Below  Rail  of  Shovel  Track  Dipper  Will  Dig.  The  re- 
plies vary  between  2  ft.  and  8  ft.  The  committee  recommends 
4  ft. 

Numlier  of  Movements  of  Dipper  Per  Minute  from  Time  of 
Entering  Bank  to  Entering  Bank.  From  one  to  six  movements 
are  mentioned.     The   committee  recommends  three. 

CaUe  or  Chain  Boist.  Seven  replies  favor  the  cable  and  27 
recommend  the  chain.    This  subject  has  been  given  very  careful 
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consideration  and  on  account  of  the  economical  cost  of  renewals 
and  repairs  the  committee  recommends  cable  hoist. 

Friction  or  Cable  Swing.  Seven  vote  in  favor  of  friction  and 
thirty-one  recommend  cable.  The  committee  recommends  cable 
swing. 

How  Extensive  Rousing  Should  be  Provided  for  Engineer,  Fire- 
man and  Cranesman.  The  replies  received  from  26  members 
recommend  permanent  housing,  while  10  favor  temporary  pro- 
tection. We  beliEVe  that  this  matter  has  not  been  given  the 
attention  of  manufacturers  and  others  that  it  demands,  although 
the  engineer  and  fireman  are  usually  well  protected,  the  cranes- 
man  is  entirely  unprotected,  and  if  he  is  to  be  retained  as  a 
necessary  employee,  he  should  be  housed.  The  committee  recom- 
mends permanent  housing  for  all  employes. 

Capacity  of  Tank.     Tanks  varying  from  1,000  gallons  to  7,000' 
gallons  are  recommended.     Believing  that  it  is  possible  to  pro- 
vide  shovel  with  water   at  least   every  twelve  hours,   the  com- 
mittee recommends  2,000  gallons. 

Capacity  of  Coal  Bunker.  Prom  one. ton  to  six  tons  are  recom- 
mended. Ordinarily  a  day's  supply  should  be  provided,  and  the 
committee  recommends  four  tons. 

List  of  Repair  Parts  Necessary  to  Carry.  From  the  various 
replies,  the  committee  recommends  the  following:  1  hoisting  en- 
gine cable  or  chain,  1  thrusting  engine  cable  or  chain,  1  swinging 
engine  cable  or  chain,  1  set  dipper  teeth,  1  dipper  latch,  12  cold 
shuts,  6  cable  clamps,  1  U  bolt,  duplicate  of  each  sheave  on 
machine,  lot  assorted  bolts  and  nuts,  lot  assorted  pipes  and 
fittings,  lot  assorted  water  glasses. 

Oive  List  of  Repair  Tools  Wecessary  to  Cover.  1  blacksmith 
forge  with  anvil  and  complete  tools,  1  small  bench  vise,  3  pipe 
wrenches  (assorted  sizes),  3  monkey  wrenches  (assorted  sizes), 
6  Chilson  wrenches  (assorted'  sizes),  1  ratchet  with  assorted 
twist  drills,  6  round  files  (assorted  sizes),  1  hack-saw  (with 
twelve  blades),  1  set  pipe  taps  and  dies,  1  set  bolt  taps  and 
dies,  6  cold  chisels  (assorted  sizes),  2  machinists'  hammers,  2 
sledges,  2  switch  chains,  2  re-railing  frogs,  2  ball-bearing  jacks, 
1  siphon  (complete),  1  axe,  1  hand  saw,  1  set  triple  blocks  with 
rope,  2  lining  bars,  1  pinch  bar,  6  shovels,  6  picks,  i  coal  scoop, 
1  flue  cleaner,  1  fire  hoe,  1  clinker  hook,  1  slash  bar,  2  hand  lan- 
terns, 2  torches,  assortment  of  packing,  assorted  oil,  in  cans. 

What  Spread  of  Jack  Arms.  Replies  received  show  a  great 
difference  of  opinion  varying  from  14  ft.  to  28  ft.  Having  in 
mind  that  it  is  often  necessary  to  provide  for  narrow  cutting, 
the  committee  believes  that  an  extra  short-arm  should  be  pro- 
vided for  each  shovel.    The  committee  recommends  18  ft. 
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Recommended  Practice  In  Shovel  Operation.  The  following, 
recommendations  were  made  by  the  Committee  on  Rqgidway  of 
the  American  Railway  Engineering  and  Maintenance,  of  Way 
Association  at  the  annual  convention. of  1917,  and  are  intended 
to  supplement  previous  recommendations  embodied  in  the  1915 
edition  of  the  Manual  of  the  association. 

Size  of  Shovel.  For  light  grtidingj  up  to  25,000  cu.  yd.  per 
mile,  where  a  shovel  can  be'iuaed  economically,  a  li^ht .  revolving 
shovel  is  to  be  desired.  For  25,000  to  40,000 -<:u.  yd.  per  mile, 
a  shovel  of  50  tons  is  a  good  size.  For  40,000  to  60,000  cu.  yd., 
per  mile,  a  shovel  of  60' to  &0  tons  is  well  suited.  For  anything 
over  60,000  ou.  yd.  per  mile,  the  shovel  may  run  up  to  well 
over  100  tons  econoinically  if  its  transportation  is  not  too 
expensive,  and  if  the  ground  is  fit  to  carry  the  weight  on  sub- 
grade  during  excavaition.   (        : 

The  greatest  cause' of  delay  in  steam-shovel  work  is  in  the 
removal  of  the  excavated,  material;  Too  great  care  and  attention 
cannot  be  given  to  securing  proper  and  ample  equipment  in  the 
matter  of  cars  and  locomotives,  and  in  the  proper  systematiza- 
tion  of  service,  track,  transportation  and  disposal.  The  eco- 
nomic success  of  a  steam  shovel  depends,  above  everything  else, 
on  having  an  empty  car  always  ready  to  replace  a  loaded  one 
under  the  dipper.  Too  great  stress  cannot  be  laid  on  this  point. 
Careful  management,  through  organization  and  unceasing  super- 
intendence and  foresight  only,  however,  can  accomplish  satisfac- 
tory results  even  with  a,  thoroughly-equipped  plant. 

As  the  plant  chargi^  against  steam-shovel  work  is  always  an 
important  item,  especially  where  the  haul  is  long,  requiring  a 
large  equipment  of  cars,  and  locomotives,  continuous  operation 
is  desirable.  For  this  reason,  either  three  8-hr.  shifts  or  two 
10-hr.  shifts  are  recommended.'  Where  the  service  is  ilot  too 
trying  on  the  machiheryj  three  8-hr.  shifts  are  more  economical, 
if  they  do  not  upset  other  parts  of  the  organization.  When, 
however,  the  work  is  severe,  two  10-hr.  shifts  are  preferable,  as 
this  arrangement  gives  two  hours  between  each  shift  for  re- 
pairs and  overhaul  in  the  plant.  For  night  work,  where  "elec- 
tricity is  not  available,  a,  small  turbo-generator,  set,  similar  to 
that  used  on  a  locomotive,  can  be  set  up  on  the  shovel  for  lighting 
the  infmediate  works. 

An  old  locomotive  tender  is  a  very  valuable  adjunct  to  a  steam 
shovel,  especially  where  delays  may  be  caused  from  irregularity 
in  coal  and  water  supply. 

The  greatest  cause  of  stoppage  in  the  shovel  proper  is  due  to 
carelessness  or  incompetence  in  the  operator.     He  should  see  that 
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his  engine-room  and  all  moving  parts  are  kept  thoroughly  cleaned 
and  accessible.  He  should  train  his  pit  gang  to  watch  the  under- 
gearing  and  track.  He  must  see  that  his  boiler  is  washed  out 
as  often  as  necessary,  depending  on  the  water  used,  and  that 
his  flues,  heads  and  sheets  are  tight  and  in  repair.  He  must 
continually  inspect  all -parts  Ijlable  to  wear  or  .extraordinary 
strain  and  make  renewals  before  the  accident  occurs.  He  must 
have  a  light  and  accurate,  hand  on  the  propelling  lever  antl-  must 
judge  his  load  on  the  hoisting  chain  or  cable,  especially  in  an 
over-powered  shovel.  Heavy  breakage  in  hoisting  chains  in  such 
a  case  is  almost  always  due  to  an  unskilled  or  careless  operator. 
The  mechanical  delays  on  a  good  shovel  operated  by  a  good 
runner  are  almost  negligible.. 

Repairs.  A  good  works  superintendent  or  master  mechahip 
can  develop  good  shovel  runners  if  he  ha.s  time  and  patience. 
This,  of  course,  is  often  difficult  on  railway  work,  especially  in 
the  Maintenance  of  Way  operations.  With  average  runners,  the 
commonest  repairs  are  as  follows: 

Hoisting  cables. 

Hoisting  chains. 

Swinging  cable. 

Teeth  and  tooth  bases. 

Friction  bands  and  blocks. 

"  U  "  bolts  or  double  bolts  and  yoke. 

Pinions   (especially  shipper  shaft). 

Dipper  latch  and  hinges. 

Dipper  stick   (in  hard  digging). 

Sheaves  and  pins   (especially  ^t  end  6t  boom  and  padlock  block.) 

Shipper  shaft. 

Crankshaft  on  boon;  engine. 

Eccentric  straps. 

Bearings. 

Arm  -jacks. 

Kack  bolts. 

Clevis  strap  between  dipper  and  bail. 

Ordinary  engine  repairs. 

Ordinary  boiler  repairs. 

Ordinary  pipe  fittings. 

,  In  the  above  list  of  most  common  repairs  much  of  the  trouble 
is  undoubtedly  due  to  lack  of  proper  inspection  and  judgment 
in  removing  worn  parts  before  they  actually  break,  also  to  care- 
less handling  of  the  shovel  when  unu,sual  strains  a,rise  in  heavy 
digging.  Where  a  good  runner  is  secured  the  repairs  will  be 
very  small.  Where  ihe  work  is;  near  a  base  of  supplies,  the 
stock  parts  carried  may  be  very  small.  There  are  a:l9o  many 
repairs  that  may  be  made  by  the  job  blacksmith  without  special 
stock. 

Repair  parts  to  be  stocked  for  emergencies  when  shovel  is 
built  as  recommended,  are  as  follows: 
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■  6  cold  shuts  for  hoisting  chain.       i 
3  cold  shuts  for  propelling  chain. 
1  swinging  cable. 
1  cable  sheave  and  pin. 
1  chain  sheave  and  pin. 
1  set  teeth. 
1  tooth  base. 

1  clevis  strap  connecting  bail  and  dipper. 

2  bolts  for  yoke,  or  2~  "  U  '■'  bolts. 
1  set  friction  blocks. 

1  pair  each  size,  bronze  bushings. 

babbitt,  if  used  anywhere. 
1  set  piston' rings. 
6  water  glasses. 

Miscellaneous  assortment  of  packing. 

Miscellaneous  assortment  of  bolts. 

Miscellaneous  assortment  of  pipe  and  fittings. 

Tools.  The  following  list  of  tools  is  generally  recommended. 
The  assortment  is  very  complete  and  may  be  reduced  at  dis- 
cretion, depending  on  the  proximity  of  other  ready  means  of 
supply   and  repairs: 

lOO-lb.  anvil. 
1  axe,  chopping,  4^-in. 
1  bar,  buggy,  3-ft. 
1  bar,  claw. 
6  bars,  lining. 
1  bar,  slice,  fire,  5-ft. 

1  set  blacksmith  tools. 

2  blocks,  snatch,  6-in. 

Set  of  bolt  taps  and  dies,  with  holders. 

1  brush,  chain,  long  handle. 

2  buckets,  G.  I.,  2-gal. 

,    1  cable,,  %-in.,  60  ft.- long. 

1  can,- oil  supply,  1-gal.  (kerosene). 

3  carriers,  timber. 

6  chisels   (two  flat,  two  round,  two  cape). 

2  containers,  oil,   6-gal. 

1  cooler,  water,  8  gal. 

2  cups,  drinking,  enamel.^ 
1  cutter,  pipe. 

1  cutter,  gage  glass. 

Set  of  twist  drills. 
1  flue  cleaner. 

Forge,  blacksmith,  portable  (with  coal). 
1  gage,  track. 
1  pair  frogs,  rerailing.  - 

Set  of  taps  and  dies,  with  holders. 

1  hacksaw,  adjustable,  8-in.  to  12-in. 

2  hammers,  B.  P..  1%  to  2  lb. 

6  hammers,  sledge,  double-face,  S-lb. 
1  hammer,  sledge,  double-face,  16-lb. 

1  hoe,  fire,  6-ft. 

50  ft.  hose,  canvas,  1%-in. 

2  jacks,  ball-bearing   (size  dependent  on  shovel). 

1  lantern,  hand. 

2  oilers,  long  spout. 

3  padlocks. 

3  picks,  clay. 

1  pot,  tallow. 

1  rake,  fire.  5-ft. 

1  ratchet,  drill. 

1  saw,  crosscut   (two-man),  5-ft. 

1  saw,  hand,  crosscut,  26-in. 
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1  screwdriver,  12-in. 

,  6  shovels,  round  point,  sliort  handle.  No.  2. 
1  shovel,  scoop.  No.  3. 

1  vise,  combination,  pipe  and  bench.  > 

i  wrenches,  monkey,  6-in.,  8-in.,  12-iii.  and  18-in. 
4  wrenches,   Stillson,   6-in.,  18-in.,  24-in.  and  36-in. 
1  set  wrenches,   single-end,  %-in.  to  2%-in. 

Locomotives.  The  type  and  size  of  locomotives  used  on  steam- 
shovel  work  must  depend  on  the  character  of  the  work,  weight 
of  trains,  the  length  of  haul  and  the  local  conditions.  On 
maintenance  work,  ordinary  road  engines  are  usually  well  suited, 
especially  if  an  ample  tail  track  is  provided  in  the  pit  that  too 
much  shunting  is  not  required.  On  construction,  where  the  track 
is  apt  to  be  bad  and  curves  abrupt,  the  4-  or  6-wheeled  saddle-tank 
type  is  preferable,  at  least  near  the  shovel.  If  the  haul  is  long 
and  the  track  is  fair,  heavier  locomotives  should  be  used  in 
transportation.  , 
,  In  general,  on  construction  where  the  tracks  are  inclined  to  be 
rough  and  curves  sharp,  the  shorter  the  wheel  baSe  on  a  locomo- 
tive the  better,  within  limits.  Where  road  engines,  or  even 
heavy  switch  engines,  are  used,  there  is  always  danger  of  de- 
railments and  frame  breakage.  Where  "  dinkeys "  are  used,  it 
is  well  to  pay  special  attention  to  springs,  brakes  and  the  loca- 
tion of  the  center  of  gravity  with  reference  to  the  wheel  base. 
Some  makes  are  so  balanced  that  under  heavy  loads  and  on 
steep  grades,  two  wheels  are  sometimes  lifted  clear  off  the  track, 
with  the  natural  resulting  delays,  if  not  damajge. 

Track.  The  shovel  track  shoi:ld  be  made  up  of  6-ft.  sections, 
with  strap  connections.  Bridles  of  %-in.  by  2-in.  iron  should  be 
used,  with  wedge  grips.  A  notched  tie  should  be  used  as  a  check, 
behind  the  front  trucks,  supported  by  steel  saddle  clamps  at- 
tached to  the  rail  with  wedged  grips.  Similar  clamps  should 
be  placed  before  the  front  wheel  without  tie  check.  Nothing  less 
than  60-lb.  rail  should  be  used  under  a  shovel,  and  heavier 
rail  should  be  used  under  the  larger  models.  No  spikes  are 
used. 

On  the  muck  track  in  tunnels  standard-length  rails  are  used, 
spiked  to  the  ties.  Where  no  tail  track  is  possible  and  the 
excavation  is  at  a  breast,  drive  rails  are  very  useful.  These  con- 
sist of  half-length  rails  laid  on  their  sides,  with  the  ball  of  the 
rail  against  the  inside  of  the  web  of  the  last  rail  spiked  down. 
As  the  breast  is  cleared  away,  these  short  rails  are  driven  ahead 
and  the  cars  are  run  out  on  the  tialls  of  the  capsized  rails. 
When  a  half-length  is  thus  driven  out,  it  is  turned  right  side 
up  and  spiked  lightly  in  position  and  the  other  half-length 
driven  out  in  a  similar  manner. 
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Preventing  Freezing  of  Dump  Car  Bottoms.  Engineering  and 
Contracting,  Apr.  17,  1918,  gives  the  following: 

A  hot  salt  solution  is  employed  on  the  Mesabi  Range  for  pre- 
venting the  freezing  of  the  bottoms  of  the  dump  cars  used  in 
connection  with  the  ■  steam  shovel  stripping.  A  rectangular 
wooden  box  of  2,000  gal.  to  2,500  gal.  capacity  is  used  for  a 
salt  tank.  The  salt  is  added  to  the  water  until  a  solution, is 
obtained,  the  common  method  being  to  add  salt  until  the  solution 
will  float  a  p6tato.  Steam  to  keep  the  solution  at  a  boiling 
point  is-  obtained  from  a  near-bj'  power  or  pumpihg  plant  or 
from  a  small  vertical  boiler  especially  installed  for  this  purpose. 
The  cars  are  sprinkled  with  the  hot  solution  by  means  of  a 
hose. 

Management  of  Steam  Shovel  Work.  The  following  is  taken 
from  the  "  Handbook  of  Steam  Shovel  Work  "  published  by  the 
Bucyrus  Company.  This  volume  contains  many  examples  of 
shovel  work  togetlier  with  cost  data  as  reported  to  the  Bucyrus 
Company  by  the  Construction  Service  Co.  Some  of  these  exam- 
ples are  quoted  by  numbers  so  that  they  may  be  compared  with 
the  diagrams. 

Lost  Time.  Steam  shovel  operation  is  rarely  a  continuous 
pterfbrmance,  so  far  as  concerns  the  shovel  itself.  There  are  al- 
ways delays,  some  of  which  are  due  to  breakages  on  the  shovel 
itself  and  some  to  interruptions  of  one  of  the  collateral  proc- 
esses, breaking  or  transportation.  The  most  costly  of  these  has 
been  where  the  shovel  was  loading  blasted  rock,  and  because  of 
imperfect  breaking  the  shovel  had  to  stop  from  time  to  time  to 
allow  drilling  and  blasting  under  the  dipper.  In  one  case  the 
interruptions  from  this  cause  amounted  to  nearly  50%,  wMch 
in  an  8-hr.  day  allowed  the  shovel  only  four  hours  for  actual 
work.  Under  sucih  conditions  the  transportation  facilities  •  must 
be  adequate  to  keep  the  shovel  working  full  time,  so  that  delays 
to  the  shovel  increase  the  cost  of  transportation  correspondingly. 

Accidents  to  the  transportation  department,  due  to  bad  con- 
dition of  the  equipment,  rolling  stock,  .or  track,  cost  just  as 
niuoh  as  delays  of  the  same  duration  caused  by  shovel  break- 
downs. Reserve  equipment  will  often  save  money  in  such  a 
situation,  but  the  best  safeguard  is  to  giv«  to  one  man  the 
falcilities  and  responsibility  for  seeing  that  all  equipment  be 
kept  in  first  class  repair.  It  is  customary  for  shovel  crews  to 
niake  their  repairs  to  the  shovel  out  of  working  hours  and  on 
Sundays  whenever  possible.  On  heavy  rock  work,  where  many 
repairs  are  needed,  the  crews  often  have  to  work  nearly  every 
Sunda;y  for  an  entire  season,  and  the  consequent  lack  of  rest  and 
recreation  is  likely  to  tell  on  the  men's  working  efficiency. 
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Stopping  to  "  chain  out "  boulders  on  heavy  rock  work  in 
shale  or  the  schist  Of  Manhattan  Island  is  likely  to  account  for  a 
lost  time  bill  of  20%  or  more,  and  presents  a  most  aggravating 
and  discouraging  obstacle  to  good  work.  In  suoh  cases  several 
extra  chains  should  be  provided,  and  two  or  three  men  con- 
stantly employed  in  putting  theHi  on  the  boulders  as  fast  as 
possible  while  the  shovel  is  working.  Even  if  these  men  are 
often  idle  for  several  minutes  at  a  time,  the  result,  in  shovel 
output,  of  their  services  is  worth  more  than  their  pay.  After 
estimating  how  many  cents  each  dipper  swing  is  worth  in  pay 
yardage,  it  is  a  simple  matter  to  calculate  how  much  should 
be  spent  in  keeping  the  dipper  wdrking.  Mud-capping  the  bould- 
ers, to  save  "  chaining  out,"  'is  desirable  if  it  can  be  done  with- 
out too  much  delay.  Usually  it  will  be  found  cheaper  in  the  end 
to  keep  a  man  or  two  drilling  block  holes,  especially  if  the 
facilities  permit  the  use  of  a  small  power  drill.  When  thus 
drilled  the  boulders  can  be  cracked  with  small  charges  and  with 
almost  no  interruption  to  the  shovel  work.  With  the  small  drill 
(like  a  riveting  gun)  the  holes  may  be  put  in  on  the  side  of 
the  boulder  away  from  the  shovel,  if  that  side  can  be  reached, 
drilling  about  6  to  10  in.  deep,  tamping  with  bhie  clay  forced  in 
with  the  thumbs  and  fired  with  a  fuse.  Very  small  charges  of 
a  rather  high  powder   (50  or  60%)   should  be  used.i 

A  list  of  the  various  causes  of  delay  should  be  kept  by  the 
shovel  runner,  and  reported  daily,  with  the  duration  of  each,  so 
that  the  relative  importance  of  the  different  causes  may  be 
known,  and  a  standard  remedy  adopted.  Whenever  such  a 
remedy  is  needed^  the  shovel  runner  can  call  for  it  by  a  whistle 
signail.  The  following  is  a  convenient  code  for  these  signals,  a 
long  toot  being  indicated  by  a  dash,  a  short  one  by  a  dot: 

—  Pit  crew  get  ready  to  move  shovel. 
Get  ready  to  mud  cap. 

Get  ready  to  block  hole. 

We  need  coal. 

We  need  water. 

Waiting  for  cars   (useful  to  help  in  spotting  cars  when 
dinkey  man  cannot  see  hand  signals ) . 

Stop. 

All  ready  to  blast. 

Fire. 

Cars  off  the  track. 

—  Back  up. 

Shovel  has  broken  down, 

•  ^1^ — .  -Superintendent's  ealL 
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A  code  of  these  signals  in,  the  shovel  cab,  and  one  in  the 
hands  of  each  foreman,  will  be  sure  to  save  money  by  the 
elimination  of  the  preventable  delays. 

Kind  of  Jjobor  Running  a  shovel  is  a  highly  trained,  and  a 
highly  paid  specialty,  and  as  a  general  thing  shovel  runners  are 
intelligent  and ,  conscientious,  but  a  good  deal  depends  on  the 
way  in  which  a  runner  and  his  craneman  work  together.  ,  If 
they  should  be  of  incompatible  dispositions  it  is  often  better  to 
move  one  of  them  to  some  other  shovel  than  to  have  them  work 
badly  together.  They  must  have  considerable  confidence  in  each 
other  in  order  for  the  attainment  of  the  highest  efficiency. 

We  cannot  too  stro'ngly  emphasize  the  importance  of  selecting 
the  most  skillful  shovel  _  runners  and  cranemen.  The  loss  of 
money  caused  by  indifferent  ability  in  these  positions  may  easily 
be  several  times  as  much  as  the  wages  of  the  men  themselves. 

We  have  elsewhere  shown  the  economic  effect  of  efficiency  in 
moving  the  shovel.  For  this  reason  the  pit  crew  should  be  made 
up  of  picked  men,  one  of  them  getting  a  little  more  pay  than 
the  others  perhaps  and  having  authority  over  them.  Thorough 
organization  here  may  be  worth  half  of  the  wages  of  the  pit 
crew.  Of  great  importance  in  many  classes  of  work  is  the  dump 
gang,  which  usually  receives  but  scant  attention.  In  sandy  ma- 
terial there  should  be  no  difficulty  in  dumping  the  cars  with  great 
regularity  and  returning  them  to  the  shovel  on  time,  but  with 
clay  mixed  with  boulders  a  good  dump  foreman  and  a  lively 
gang  are  necessary  for  good  work.  The  men  must  realize  that 
they  are  part  of  a  large  machine  and  that  their  own  delays  will 
impede  their  fellow  workmen.  For  this  reason  it  is  often  well 
to  alternate  the  foreman  and  some  of  the  men  between  the  differ- 
,ent  positions.  A  foreman  on  the  dump  will  better  realize,  what 
is  expected  of  him  after  he  has  had  experience  in  the  pit  and 
on  the  track  laying.  Some  of  the  more  intelligent  men  will  also 
be  benefited  in  like  manner,  while  Others  of  less  intelligence' 
will  not.  ,     , 

Estimating.  For  purposes  of  estimating,  in  order  not  to  forget 
anything  and  to  facilitate  a  logical  arrangement  of  the  various 
costs  that  occur  on  the  work,  it  is  important  to  have  some 
standard  classification  of  expenses.  The  ordinary  costs  are  in- 
eluded  in  the  following  list,  which  is  used  by  the  Construction 
Service  Company  as  a  standard  guide,  and  which  will  be  found 
useful  as  a  guide  to  properly  subdivide  the  cost  keeping  in  the 
field,  and  as  an  aid  to  the  bookkeeper.  By  using  the  symbols 
opposite  each  name  they  can  be  readily  and  easily  referred  to. 
We  have  found  that  the  mnemonic  method  is  much  easier  to 
remember  and  more  satisfactory  in  operation  than  a  numerical 
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system.     It  has  been   in  use  for  some  time  and  it   is  proving 

very  satisfactory. 

\ 

;      STANDARD  CLASSIFICATION  OF  EXPENSES 
, ;         .0a^siflcat)ioii,  I,    Mlaiu  Classification  of  Expenses. 
X  &aneousloverhead. 

U  Subcontract  f-^'reci. 

Classification  II.    Distribution  of  Classification  I. 
L    ■       Labor  directly  productive. 
Lb        Hourly  labor. 
Lw        Weekly  labor. 
.      .-Lm,       Monthly  labor. 
Li  Incidental  labor. 

F  Labor  superintending. 

M  Material. 

S  Supplies. 

X  Miscellaneous. 


Classification  III.    Distribution  of  Classification  II. 

E           BepairB    - 

?           g.Tertsi:"""'  Uaintenance. 

S           Storage 

B-          Hire  or  rent 

T           Transportation 

O           Organization  or  preparatory 

X           Miscellaneous. 

n            Charity  or  accidents 

B            Bonus  or  discounts 

'  Incidental. 

7,           Legal  and  medical 

-L^^U^.X\.XX  ■!.■&. 

P            Publicity  or  advertising 

A           Accident  insurance 

b'            Fire  insurance 

Q            Theft  insurance 

Q           Bond  to  guarantee  contract  ^ 

Classification  IV.    Application  of  Classifications  II  and  III 

E            Equipment  or  plant. 

T            Tools.    ' 

B            Buildings. 

C            Cash  capital. 

X           Miscellaneous. 

Classification  V.    Field  Processes. 

B            Breaking    (loosening). 

0            Construction. 

D           Dumping. 
G         .  Grubbingi 

L           Loading. 

M           ilixing. 

Protection. 

R           Ramming  and  rolling. 

S            Spreading. 

T            Transportation. 

X           Miscellaneous. 

Classification  VI.    Tj'pe  of  work. 

C            Concrete  masonry. 

'      "^        ,    Earth.. 

L            Liquids. 

Bribk  and  montar. 

R           Rock. 

W          Woodwork. 
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We.'9,lso  give  in  this  chapter  some  charts^made  up  from  our 
observations,  vrUch  will  be  useful  in  helping  to  estimate  the 
costs  on  steam  shovel  work.  Rates ,  of ,  wages  must  be  ascertamed 
for  the  particular  locality  in  which  the  work  is  to  be  done,  and 
with  reference  to'  the  condition  of  the  labor  market.     It  may  be 
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-  DIRECT  SHOVEL  LABOR'AVONE  BEINS  CONSIDERED  — 


REPORT  NUMBERS 


Fig.  33.    Diagram  Showing  Cost. 

TABLE    OP   RATES    OF    WAGES.    DIRECT   LABOR 
■Rur.vrus  Shovels 


Bucyrus  Shovels 
Occutiatioii    No.  Obs.     Minimum  _  Avei 

Runner     ....    tt       $75.00  per  month       $135.00] 


Runner     . . 
Craneman 
Fireman     . 
Coalman 
Pitman 


$75.00  per  month 
55.00  per  month 


Average 

$135.00  per  month 

96.00  per  month 


ptu.uu  per  xuuiiuu  ipj.o./.vu  y\>^   i^v^v^ 

55.00  per  month  96.00  per  month 

50.00  per  month  62.00  per  month 

1.40  per  day  '~    1.47  per  day 

1.40  per  day  1.9P  per  day 


Maximum 

$175.00  per  month 

12^.00  per  month 

87.00  per  month 

1.50  per  day 

3.50  per  day 


noted  that  certain  report  numbers  are  quoted  in  these  charts,  the 
corresponding  reports  not  being  found  elsewhere  in  this  volume. 
In  such  cases  the  information  is  on  file,  but  is  not  published  in 
detail  owing  to  objection  on  the  part  of  the  company  or  indi- 
vidual operating  the  shovels. 
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REPORT   NUMBERS 


Fig.  34.     Diagram  of  Time  in,  Seconds  for  Complete  Upper  Swing. 
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Steam  Shovel  Woi-k  in  Samd  and  Gravel.  Most  of  this  work 
is  likely  to  be  in  a  borrow  pit,  where  a  large  area  is  to  be 
excavated,  and  where  the  installation  is  of  a  semi-permanent 
nature.  Many  of  the  banks  are  very  high,  requiring  few  moves 
of  the  shovel,  and  in  some  cases,  especially  where  there  is  some 
cementing  material  mixed  with  the  sand  or  gravel,  or  when  the 


tWORK  IN  SLAG. 

•  ROCK  CUT  FOR  CANAL  WIDENINO. 


REPORT  NUM0ER3 


Fig.  35.     Diagram  Showing  Idle  Time  of  Shovels. 


cementing  is  done  by  ice  in  the  spring  or  fall  of  the  year,  heavy 
and  dangerous  laijd  slides  are  possible. 

From  an  operating  standpoint  sand  is  an  ideal  material  to 
handle,  except  when  very  fine  and  in  heavy  winds,  in  which  eases 
a  high  pressure  stream  of  water  from  a  hose  with  spray  attach- 
ment, if  water  be  plentiful,  will  greatly  help  to  keep  the  sand 
out   of   the   eyes   of   the   men.     Sand   in   a   freshly   dug   bank  is 
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REPORT  rtUMBERS 


Material                              Min.  Average         Max.  No.  Obs. 

Sand  and  gravel   18.2  40.5  67.6  5 

Earth  and  drift  26.5  46.0  67.8  5 

Clay     26.0  45.16  63.4  10 

Iron    ore    28.4  47.59  69.3  10 

Rock     20.4  46.3  73.3  25 

Fig.  36.     Diagram  Showing  Actual  Shovel  Working  Time  in   % 
of  Total  Time. 


quite  often  naturally  moist.  In  railroad  work  a  good  deal  of 
this  material  is  loaded  on  flat  cars  with  or  without  side-boards, 
and  it-  is  often  difficult  to  make  close  estimates  of  the  amounts 
handled.  We  have  found  it  an  excellent  method  to  weigh  the 
amount  of   material   that  will   fill  a  half   cubic   yard  box,   at 
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average  dryness,  and  then  weigh  several  trains  of  cars  of  the 
material,  which  can  easily  and  -  conveniently  be  done,  prom 
records  obtained  in  1898,  average  gravel  used  for  railway  ballast, 
fair  quality,  moderately  -clean,  weighed  3,248  lb.  per  cu.  yd., 
rather  dry,  and  the  average  flat  car  without  side-boards  con- 
tained. 9.4  cu.  }'d.  The  length  in  a  train  of  such  average, cars 
was  36  ft.  center  to  center  of  couplers,  so  that  when  dumped 
from  the  train  the  ballast  averaged  0.26  cu.  yd.  per  ft.  of  track. 
This. was  sufficient  to  Jaise  one  track  5  in.       . 

Free  running  dry  sand  will  not  stand  up  so  high  In  the.bucket 
or  on  the  cars  as  when  it  is  quite  wet  or  contains  some  little 
cementing  material.  Therefore,  the  best  performance  can  be 
looked  for  where  there  is  a  little  cement  or  water  evenly  dis- 
tributed in  the  bank. 

Report  No.  J.  Shovel  No.  612,  inspected  September  11,  1909, 
DUne  Park,  Ind. 

The  material  was  all  of  uniform  size  and  exceptionally  clean, 
sharp,  white  and  rather  small :  grained.  The  bank  against  which 
the  shovel  worked  was  fully  60  io  70  ft.  high,  and  sloped  at 
about  one  on  two. 

The  material  was  loaded  upon  gondola  cars  supplied  and  spotted 
by  the  Lake  Shore  &  Michigan  Southern  Railway. 

The  shovel  was  of  the  usual  70-ton  type  with  all  steel  dipper 
handle  and  boom,  the  latter  being  of  the  truss  type  braced  on  the 
sides.  A  2%-yd.  dipper  was  used.  This,  instead  of  teeth,  had 
a  long  'steel  lip  or  "  cutter  blade,"  so  that  when  filled  its  capa- 
city was  increased  to  about  3%  yd,    .Water  was  taken  "from  the 
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ground  by  means  of  a  pipe  sunk  therein  and  a  pump  on  the 
shovel,  which  was  digging  to  water  level  only. 

Cost  keeping.  The  time  sheet  was  made  in  duplicate  and  was 
sent  to  ,the  main  office,  where  the  payroll  wals  made  up  and  the 
total  amount  charged  to  the  job.  The  steam  shovel  report  also 
went  to  the  main  oflBce  every  day.  This  was  made  out  by  the 
steam  shovel  engineer,  but  was  copied  by  the  clerk  to  obtain  a 
clean  sheet.  A  facsiinile  of  such  a,  report  blank  is  given  in 
Kg.   37. 

OBSERVATIONS 

Weight  70  tons,  shipping- weight  without  coal  and  water 

Capacity  of  dipper 3.27  cu.  yd.,  including  lip 

Depth  of  dipper  (water  measure)   .....1 51  in. 

X>epth  of  dipper  including  lip  81^  in. 

.Cubic  yards  excavated  (place  measure)  in  8  hr 3,300 

Cubic  yards  per  car   (place  measure) ...average  21.2  yd. 

Per  cent. 

Actual'  working' 67.6 

Spotting  cars 0.7 

Waititag  for  cars    '. 22.6 

Moving   shovel    6.8 

Miscellaneous  delays,  including  8  minutes  clearing  track      2.3 

Total  time  under  observation,  481  mln ;....:  100.0 

DIRECT  LABOR  DISTRIBUTION 

Per  day 

1  runner    ....- ^  5.00 

1   craneman 3.60 

1   fireman    ....' 2.40 

3  pitmen    ; .*  i  '  4.50 

S'  spreaders .:..       4.50 

Watchman    ^ ,...;:     1.50 

Timekeeper 2.00  ' 

Shop  engineer    -. .' 2.00 

1  machinist    ' 3.00 

1  car  repairer    ;'... 2.00 

>  Total  cost  of  labor  per  day  i ' $30.50 

C(Kt  per  cu.  yd.,  ct : 0.93 

:  Report  No.  2.  Shpvel  No.  1118,  inspected  July  16,  19(59,  at 
^ent,  Ohio.  >  , 

'  This  work  was  part  of  that  undertaken  in  the  relocation  of 
the  Wheeling  and  Lake  Erie  R.  R.  at  Kent,  Ohio,  and  was  done 
by  John  B.  Carter  under  contract.  A  prize  of  $5  was  offered  to 
the' dinkey  runner  who  made  the  best  time  spotting  cars  during 
the  afternooa's  wo^k.   ^  '  ' 

OBSEBYATIONS  ,       i 

Material  is  fine  gravel  with  occasional  strata  of  sand.    Ideal '    ' ' 
material   to   handle.    Weather   fair   after   heavy  rain   during 
night.  ,  .,,:., 

Type  of  shovel  Standard  gauge  70  C 

Size  of  buck;et   2V4  yd. 
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■iength  of  shift  ...i.- .■•■. r-W  hr. 

Coal  used  r^. : 3%  tons  per  24  hr. 

Water  used  ..........;..., 300  gallons  per  hr. 

■  Narrow  gauge  track  3  ft.,  55-lb.  rails  for  cars.  ;  ^ 

,    Kind, and  size  of  cars  used  K.  &  J.,  4  yd.' 

Kind  and  size  of  dinkey '.Vulcan,  16-ton  '    "  '  - 

Length  of  haul   .; Max.  3,500  ft.,  «nin.  2,300  ft..      . 

Number  of  trains   3 

Per  cent. 

Actual    working    58.9 

"Waiting  for  cars    7.4 

Moving  shovel    .: 13.2            j 

Miscellaneous   delays    (20.5) 

Coaling 1.2 

Repairing  track 1.1 

Repairing  track    ^  • .' .9 

Fulling  track  on  dumps 17.1 

Minor   repairs , .2 

Total  time  under  observation .' 100.0 

Average  number  of  cars  loaded  per  day  (average  of  85  days) 
=  516  @  iVi  yd. 

Average  number  of  cubic  yards  loaded  per  day  (average  of 
85  days)  =  2,193. 

'       Standard 
basis 

1  runner   $5.00* 

1  craneman    3.60 

1   fireman    2.40 

3  dinkeymen   7.80 

'3  brakemen   4.50 

4  pitmen    6.00 

9  dumpmen    13.50 

1  du'mp   foreman    2.00 

1  pipeman  1.50 

1   smith 2.50 

1  smith  helper  ; 1.50 

1   watchman    1.50 

Cost  of  labor  per  day  $51.80 

Number 

of  Ob- 

^  Time  Study  Reductions  -serva-  Minimum       Mean      Maximum 

tions  Min.  Sec.   Mill.  Sec.  Min.  Sec. 

Time  for  moving  up,  shovel  idle 19         1       20         2  54         B       45 

Time  between  moves,  shovel  working..    20         7       35.      12  23       14       ., 

Time  between  trains    21        ..        55         1  29         2-      05 

Time  per  train  loading 36         6       07         6  52         8       10 

Time  per  dipper , 21                 16        ..  17        ..       19 

Number  of  dippers  to  move  20       24        . .        . .  42.3        . .        48 

Number  of  dippers  per  train 36       24       . .        . .  24.2        . .       26 

Number  of  dippers  per  car 432       2.02 

The  total  loading  time  of  the  contest  -was  215  min.  57  see.; 
and  in  this  time  770  complete  dipper  swings  were  made,  and  384 
cars  at  4  cu.  yd.  each  were  loaded. 

Shovel  No.  1118  wag  moved  back  on  standard  rails  30  ft.  in. 
lengthy  only  6  rails  being  used,  and  the  method  employed  was 
as  followsi: 
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When  the  shSvel  had  finished  its  cut,  a  track  90  ft.  long  was 
laid  behind  it  joining  the  regular  shovel  track  made  up  of  short 
sections.  The  shovel  was  then  backed  to  the  end  of  this  track, 
and  as  soon  as  it  had  passed  off  the  first  rail-length  the  rails 
were  picked  up  by  four  men  and  thrown  over  the  loading  track. 
On  this  track  stood  a  dinkey  with  a  6  by  8-in.  piece  fastened 
to  its  front  end,  and  long  enough  to  extend  about  6  ft.  from 
the  side  of  the  dinkey  on  the  shovel  side  of  the  track.  At  the 
end  of  this  was  a  piece  of  %-in.  cable,  wrapped  securely  around 
the  timber,  and  with  a  loose  end  about  10  ft.  loiig.  At  the  loose 
end  of  the  cable  was  a  hook  made  of  material  small  enough  to  be 
inserted  in  the  bolt  holes  in  the  rail. 

When  a  rail  was  moved  over  toward  the  loading  truck  this 
hook  was  fastened  to  the  rail  and  the  dinkey  then  dragged 
the  rail  to  the  rear  of  the  shovel.  While  the  four  men  were 
moving  the  rail's  and  the  dinkey  was  dragging  them,  three  other 
men  Were  gathering  up  the  ties  and  putting  them  in  piles  of 
three  or  four  each,  fastening  them  with  chains.  The  ties  were 
dragged  by  mule  team  to  a  place  in  rear  of  the  shovel  where 
they  were  spaced  by  two  men  and  made  ready  to  receive  the 
rails.  As  soon  as  sufficient  ties  for  a  rail  length  of  track  were 
laid,  tiie  rails  that  had  just  been  brought  back  by  the  dinkey 
were  placed  upon  them  and  fastened  to  the  rails  on  which  i  the 
shovel  stood,  and  were  connected  and  spaced  by  four  regular 
track  bridles.  The  shovel  then  moved  back  one  rail  length  and  so 
left  a,  rail  length  in  front  of  its  position  uncovered,  this  being 
then  torn  up  and  moved  back  —  the  rails  by  the  dinkey  and  the 
ties  by  the  mules. 

The  force  engaged  included  the 

Shovel  engineer  1  Foreman 

Craneman  1  Mule  team  and  driver 

Fireman  8  Men  moving  rails 

Dinkey  engineer  5  Men  moving  ties 

Dinkey  brakeman  4  Pitmen  bolting  track,  etc. 

at  a  total  labor  cost  of  $46.60  per  day. 

It  took  1  hr.  10  min.,  to  move  the  shovel  back  300  ft.  in  this 
manner  or  .1167  of  a  day.  . 

0.1167  X  $46.60  =  $5.44  to  move  300  ft.,  or  1.81  et.  per  ft. 

Preparatory  cost  was  $1,500;  includes  moving  shovel  2,500  ft. 
from  railroad  tracks  on  practically  same  grade  as  bottom  of 
pit. 

Distance  of  mov^  in  pit  laterally  for  each  bank  averages  30 
ft.  for  eleven  moves. 
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I         .  ACTUAL  RATIOS 

Water  cpnsiumptipn,  pounds       60,000     _^  „  ^.  ,   ■ 

■    Coal    consumption,  pounds        '7,500. 

Report  No.  3.  Shovel.  No.  611,  Inspectedj  Sept.,  14,  1909,  at 
Gary,  Ind.,  '  .      i, 

The  shovel  itself  had  no  featuiies  that  would  distinguish, it  from 
any  of  the  others  of  the  70-ton  class,  but  the  method  qfi  blocking 
up  the  rear  trucks  was  different  fiom  the  usual  practice;  These 
were  raised  20  in.  while  the  front  ones  were  elevated  only  the 
usual  6  in.  The  reason  given  for  this  by  the  runner  was  that 
the  boom  "  swung  better."  WJien  swung  loaded  over  the  cars  it 
could  be  stopped  more  quickly  and  would  swing  back  in  less 
time  than  when  blocked  evenly.  The  boom  was  of  the  truss  type 
with  lattice  side  bracing,  and  both  it  and  the  dipper  hai^cQe 
were  made  entirely  of  steel.  Water,  was  taken  from  the  loco- 
motive. 

OBSEEVATIONS 

Capacity  of  dipper 3  cu.  yd; 

Area  qf  section  p£  face  ., 755  eq  .ft. 

Height  of  face 24  ft.  to  zero 

Cubic  yards  per  car 21.1  place  measure  (average) 

Per  cent. 

'  Actual'  working  '.' ; 35.4 

Spotting  cars    ; 0.3 

Waiting  for  cars 48.8 

Moving  shovel    ....'i-C.'.'...l ■ ,,.'. 5.1 

Miscellaneous^  delalys  ,,...■....; ■ ., 1.3 

Idle-engineer  looking  after  fire 3.8 

Pitmen  loosening  bank    0.2 

Waiting  for  cars  to  pull  out  , 0.4 

Fixing  valve  on  crane  engine  ■..:;. ..l^;'.-.'. 1;1 

Taking  water, ,....' 1.8 

Taking  coal  \i 1.8 


Total  time  under  observation,  547,min 100.0- 

THE  SHOVEL  CREW  PAY  ON  STANDARD  BASIS 

Runner $  5.00  ' 

Cranemen 3.60 

Firemen     ...^ ■ 2.40 

4  pjtmen   .;•,. , ; 6.00 

6  trackmen  .^ 9.66 


Labor  cost  per  day  for  excavating  $26.00 

Cubic  yards,  loaded  on  day  of  observation  ,1,602 

$26.00' 

Cost    of   loading    per'   cubic   yard    (direct   labor    only), 

1,602 
,  ,    ,       =  1.62  .cents  per  cubic  yard. 

Steam  Shovel  Work  in  Earth  and  Glacial  Drift.,  The ^  pecu- 
liarity of  this  material  for  steam  shovel  work  is  that  it  varies 
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much  more  in  consistency  than  sand  sind  gravel,  may  i  be  difficult 
to  break  up,  and  often  contains  boulders  of  considerable  size. 
It  is  the  usual  practice  to  attsick  it  with  teeth  instead  of  a  steel 
lip  on  the  bucket.  When  wet,  the  material  is  likely  to  stick  to 
the  bucket;  and  particularly  to  the  bottoms  of  dump'  carsi  making 
it  difficult  to  remove  in  dumpipg;  and  being  lilcely  to  dry  or  freeze 
into  a  hard  cake.  For  this  reason  it  is  important  to  clean  and 
iicrape  car  bottoms  at  night. 
■Because  of  the  prevalence  of  boulders,  which  cause  irregular 
loading  of  the  bucket  and  of  the  ears,  this  material  will  not  he 
likely 'to  average  quite  as  many  yards,  place  measure,  .percar 
of  the  same  size  as  will  sand  or  "good"  gravel. 


Fig.  38.  114-yd.  Bucket  with  18-in.  Lip  Added,'  Increasing 
Capacity  to  About  2  Yd.  Used  on  45-Ton  Shovel  near  South 
Bend,  Ind. 

When  the  large  boulders  occur,  necessitating  the  use  of  chains 
and  hooks,  or  even  mud  capping  with  ilynamite  to  reduce  their 
size,  the  work  is  necessarily  much  delayed  and  the  cost  becomes 
excessive.  ; 

Sometimes  a  good  sized  boulder  may  roll  down  the  slope  and 
injure  one  of  the  pitmen,  who  are  therefore  more  cautious  than 
when  working  in  sand,  and  consequently  slower. 

In  estimating  upon  this  material  the  ground  should  be  gone 
over  with  care  by  the  man  who  is  to  make  the  estimates,  and 
a  computation  made  of  the  number  of  boulders  above  the  limiting 
size  that  are  likely  to  be  encountered.     A  shovel  with  large  bucket 
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is  advisable  for  this  wbrk,  since  the  delays  from  boulders  are 
thus  miniiaized. 

Report  No,  6.  Shovel  No.  893,  Inspected  July  14  and  15,  1909, 
at  Long  Island  Oity,  N.  Y. 

This  shovel  had  standard  gauge  railroad  car  wheels,  weighed 
seventy  tons  and  was  about  three ,  years  old.  It  .had  been  over- 
hauled several  times  and  was  in  good  condition.  , 

It  will  be  noticed  under  the  "Labor  Distribution"  table  that 
there  were  two  more  pitmen  than  is  usual.  The  duties  of  the  en- 
gineer consisted  in  superintending  everything  about  the:  shovel 
in  a  general  way  and,  in  co-operation  with  the  craneman,  running 
the  shovel.  His  word  was  law  in  anything  connected  with  the 
shovel.  The  craneman  operated  the  dipper  engine  and  dumped 
the  dipper.  He  also  directly  supervised  the  operation  of  moving 
forward,  but  on  this  shovel  did-  none  of  the  actual  work.  .The 
pitman  receiving  $1.75  was  a  general  handy  man  and  was  fore- 
man of  the  pitmen,  although  he  did  the  same  work  as  they. 

While  the  shovel  was  operating,  the  pitmen  were  engaged  in 
taking  _  up  the  rails  and  ties  behind  it  and  carrying  them  to  a 
convenient  place  ahead,  so  that  they  could  be  readily  laid.  The 
ties  were  thrown  in  front  of  the  forward  trucks,  and  as  soon 
as  the  dipper  dug  high  and  far  enough  away,  the  pitmen  laid  the 
stringers  and  th?n  rolled  the  ties  into  place  so  that  as  soon  as 
the  shovel  was  ready  to  taove,  all  that  remained  to  be  done  was 
to  place  and  clamp  them  to  the  rails,  and  set  the  jacks.  Under 
the  head  of  "Time  Study"  will  be  found  the  percentage  of  the 
total  time  consumed  in  moving  forward. 

As  has-  been  explained,  moving  the  shovel  forward  is  an  inter- 
mittent process.  So  far  as  is  possible,  however,  the  move  back 
to  enter  a  new  cut  is  made  continuous.  This  necessitates  an 
unbroken  track  behind  the  shovel.  In  this  particular  case  it 
took  all  morning .  and  part  of  ,the  afternoon  to  thus  clear  the 
way  and  lay  the  ties  and  rails.  The  time  required  for  such  a 
process  is  of  course  dependent  on  the  distance  the  shovel  must  be 
moved-  back  and  also  upon  the  number  of  curves  encountered. 
Great  care  should  always  be  exercised  in  having  the  bridle  rods 
in  proper  adjustment,  especially  on  the  cutves,  for  otherwise  the 
shovel  will  be  likely  to  leave  the  track,  causing  annoying  delays. 
Here,  as  will  be  seen  in  the  "  Time  Study,"  the  actual  moving 
back  occupied  106  min.,  and  483^  min.  were  necessary  to  get 
things  into  running  order  after  the  backward  journey. 

Coal  for  the  shovel  was  brought  in  by  the  dinkeys,  dumped 
near  by,  and  carried  from  the'  dump  by  a  laborer.  For  this 
purpose  an  ordinary  nail  keg  was  used,  and  by  having  the  man 
keep  count  of  the  number  of  kegs,  the  consumption  to  within  a 
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tenth  of  a  ton  was  obtained.     On  ^he  first  'day  this  amounted  to 
2.2  tons  and  on  the  second  to  2.7  tons. 

In  order  to  be  able  from  time  to  tiipe  to  tell  whether  any  part 
of  the  work  was  costing  more  than  it  should,  the  engineer  in 
charge  had  kept  very  close  cost  accounts,  and  he  very  kindly 
explained  his  methods. 

The  timekeeper  on  this  work  had  two  books,  using  them  al- 
ternately. 'He  did  not  write  in  the  names  or  the  number^s  of  the 
men  before  leaving  the  office,  but  as  he  found  the  men  on  the 
work  he  jotted  their  numbers  or  names  one  btilow  the  other  just 
as  he  came  to  them,  starting  with  a  new  page  every  day.  The 
foUpwing  da.y  this  book  was  left  in  the  office  and  the  clerical 
force  compared  the  timekeeper's  record  with  the  foreman's  re- 
ports. If  there  was  any  discrepancy  it  was  called  to  the  time- 
keejier's  attention  and  he  looked  into  the  matter. 

From  these  records  the  office  force  made  up  a  daily  statement 
showing  the  labor  employed,  the  rate  of  wages,  the  amounts, 
and  the  nature  of  the  work.  Material  used  was  kept  account  of 
by  the  amounts  delivered  to  each  machine  or  foreman,  as  shown 
by  the  storekeeper's  daily  report. 

From  these  reports  the  engineer  himself  made  up  the  distribu- 
tion. This,  however,  did  not  follow  any  definite  scheme  such  as 
the  schedule  employed  by  the  Construction  Service  Company,  but 
consisted  in  crediting  to  each  item,  such  as  grading,  surfacing, 
mixing  concrete,  shovel  No.  1,  etc.,  its  quota  of  labor  and  ma- 
terials 'used,  and  from  these  data  the  unit  costs  were  computed 
■by  the  engineer,  so  that  no  one  else  has  access  to  them.  Super- 
intendence, insurance,  interest,  and  other  items  that  could  not 
be  charged  directly  to  any  one  operation  were  distributed  accord- 
ing to  the  percentage  of  the  total  labor  cost  involved.  Superin- 
tendence had  been  found  to  be  about  6  to  6i^%  of  the  labor  cost. 
The  cost  and  amount  of  coal,  oil,  and  cottpn  waste  supplied 
to  any  machine  over  a  definite  period  was  divided  by  the  num- 
ber of  working  days  and  by  the  number  of  yards  excavated  or 
hauled  to  find  the  unit  quantities  and  costs.  Depreciation  was 
not  considered  until  the  end  of  the  job.  With  the  exception  of 
the  foreman's  reports  and  the  daily  statement  of  the  time- 
keeper, no  printed  forms  were  used  for  this  work. 

The  general  plan  of  the  track  layout,  shown  in  Fig.  39  is  the 
ideal  arrangement  for  feeding  cars  to  a  shovel"  as,  with  wide 
awake  signalmen  and  dinkey  engineers  and  plenty-  of  cars,  there 
should  be  no  more  reason  for  losing  time  in  spotting  trains  than 
in  spotting  cars,,  for  as  soon  as  a  train  is  loaded  and  pulls  out 
another  follows  right  into  its  place,  and  by  loading  the  end  car 
first  no  time  need  be  lost.     With  the  exception  of/  not  always 
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having  enough^  trains  on  hand,  this  is  what  would  happen  on  this 
worlc,  and  when  the  trains  did  follow  one  another  -very  little 
time. was  lost.  This  arrangement  is  particularly  suitable  when 
the  number  of  moves  of  the  shovel  is  a  minimum  for  then  the  idle 
time  of  the  dinkeys  would  be  a  minimum  also. 


Fig.  3p.     Track  Arrangement, ^hoyel   893.     Report  No.  6. 

The  total  "  run  around  "  was  7,300  ft.,  0,600  ft.  and  6,300  ft., 
depending  upon  the  dump,  as  indicated  in  the  sketch  (Fig.  39). 
The  dinkeys  weighed  18  tons  each  and  the  cars  were  the  usual 
4.17-ydj  side  dump  cars..  These  cars  hold  about  3.6  cu.  yd.  when 
heaped  full.     No  method  of  breaking  was  provided  or  needed. 

Per  cent. 

Actual   working 43.4 

Spotting  cars ^^ 0^0 

Raiting  for  cars   ..,._...>...,..,.. ^.^.  20.4 

Moving  shovel '.. '.1. ..'.'.'. .^^'.'.1 ...■..'.  17.9 

Idle   time— rain ...J, i 1.2 

,]^ep,a,iriiig,  .boom    ; 2.8 

'Clearing  track'  after  blast   6.1  ' 

:  HiscellaneOus  time  —  clearing  bank  2.3 

Blasting 0.4 

Moving  boulders   .'. 3.0 

Boulder  on  track' .■ 1.5 

Loosening  bank : 0.7 

Jacking   up .- 0.3 

Total. time  under  observation,  600  min 100.0 

1,705  flu.  yd.  per  day  during  1908. 

Standard  Basis  —  Second  Day 

Runner ; {    5.00 

Oraneman    -. 3.60 

Fireman 2.40. 

I  pitman 1.75 

_,         8  pitmen i 12.00 
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standard  Basis  —  Continued 

1  coalman ■  i  1.50 

3  tocpmotive  engineers    .*...!.'!  .  7^80 

3  locomotive  brakemen   ...'. '  4*50 

1  Bwitchman    . , ; ,/_]  1^50 

4  laborers,  blasting:  i , ...!...!'  6,00 

1  foreman,   blasting 2:00' 

35  laborers,  3  dumps : . .  52  JOi 

1  3  foremen,  3  dumps   6.00 

1   superintendent    6  qO 


Total  cost  of  labor  per  day   ...., ?li2.55 

Cost  of  labor  per  cubic  yard,  cents  7.89 

Prom'  the  record  which  follows:  ' 

Average  cubic  yards  excavated  per 

day  during  1908    1,705 

Average  cost  loading  labor 'per  day      $24.75 

r^T     T  ~. ; = =  1.45  ct.  per  cu.  yd. 

Number  cubic  yards  per  day  1,705 


Month 

*January  . , 

♦February 

March.    .. . . . 

-April    ....,,. 

May      

, ,,JiuBe.    ..; 

July      ...... 

■   August    

!  .September 

October  . . . 
''''NoVembeY    . 

.*December 


Actual  No. 

days 

Total  days 

"Number  of 

worked  leas 

worked 

stormy  days 

all  delays 

26 

1 

21.10 

23 

1 

18.17 

21 

3 

18.73 

25 

1 

20.65 

25 

1 

21.58 

25 

0 

23.28 

26 

■    0      ' 

22.38 

1 

0 

0 

25 

0 

18.64 

25 

0 

13.92 

24 

0   > 

17.35 

Total    246  7  195.80 

*  9-hr,  days  during  January,  February  and  December. 

Steam  Shovel  Work  in  Clay.  Clay  is  more  susceptible  to  mois- 
ture than  any  of  the  other  materials  considered  in,  this  volume. 
It  will  stand  with  a  nearly  vertical  face  before  excavation  and 
can  be  dug  very  readily  when  fairly  dry.  When  rather  wet  it 
is  sticky  and  offers  great  resistance  to  the  lifting  motion  of  the 
bucket.  With  a  powerful  engine  this  is  of  no  great  disadvantage, 
since  the  resistance  is  smooth  and  does  not  rack  the  boom  and 
shipper  shaft.  In  the  pit,  however,  the  discomfort  attendant 
upon  working  in  this  wet  material  is  very  considerable.  ,  To  han- 
dle it  wet  with  hand  shovels  is  laborious,  as  it  sticks  to  the  bowl 
of  the  shovel  and  tries  to  take  the  shovel  and,  the  shoveler  with 
it  when  cast.  A  hole  or  two  punched  in  the  bowl  will  often 
afford  much  relief  to  the  men.  This  material  containing  prac- 
tically no  voids,  is  very  heavy,  and,  owing  to  its  stiffness,  a  large 
amount- in  comparison  with  sand  or  gravel  can  be' loaded 'upon  a 
car.     Ton  for  ton,  it  is  economical  to  transport  for  this  reason. 
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In  wel  weather  it  is  apt  to  cling  like  flypaper  to  the  car  and 
delay  the  damping  operation.  When  handled  with  a  toothed 
dipper  it  is  liable  to  get  between  the  teeth  in  chunks  and  cling  to 
them  wiien  dumping  into  the  car,  so  that  only  a  portion  of  the 
dipper  load  is  released  for  each  swing.  This  is  very  irrita,ting  to 
the  men  aAd  expensive  to  the  management. 

Report  A'o.  IJ.  Shovel  No.  1119,  Inspected  July"  15,  1909,  at 
Kent,  Ohio. 

OBSERVATIONS 

Material.  Clay  mixed  with  sand  with  occasional  sand  pockets. 
When  dry  could  be  handled  easily  but  when  wet  it  was  very 
gummy   and   stuck   in   dipper   badly,     Some  quicksand. 

Type  of  shovel 70  C  Bueyr^is 

Siize  of  bucket 2%  yd- 

Length   of  &hift   10  hr. 

Coal  used   3  tons  in  10  hr. 

Water   used , ..3,500  gallons  in  10  hr. 

IBoiler.  is  cleaned  once  a  month. 
Narrow  gauge  3  track,  55-lb.  rail. 

Kind  and  size  of  cars  used  K.  &  J.,  4-yd. 

Kind  and  size  of  dinkey  Vulcan,  16-ton 

Length  of  haul   Max.  2,700  ft.,  min.  2.000  ft. 

Numberof  trains   2  —  12  cars 

Cars  figure  4%  yd.  each  according  to  this  record  and  monthly 
estimate  for  first  three  months.: 

This  shovel  cut  into  right  of  way  for  several  days  and  was 
then  turned  into  borrow  pit.  The  preparatory  cost  of  cutting  into 
right  of  way  was  $400  and  to  cut  into  borrow  pit  $1,200  more. 
Shovel  was  delayed  from  May  19th  to  May  26th,  on  account  of 
right  of  way  difficujlties.  Total  preparatory  costs  and  cost  of 
delay  were  said  to  be  $3,000. 

Per  cent. 

Actual   working    63.4 

Spotting    cars    ... 

.    Waiting  .for  ears 19.1 

Moving  shovel, 13.6 

Miscellaneous    delays ; 3.9 


Total  time  under  observation,  362  min.   ..i 100.0 

From  the  records  which  follow: 
Number  of  carloads  excavated  per  day   (average  of  36  days) 

380  @  414  yd.  ,         -    H  .- 

Cubic  yards  loaded  per  day  (average  of  36  days)  380  x  4.25  x 
90*  =  1,450  cu.  yd.,,  i 

Place'measure 
*  0.90  =  ratio  of  — -^^  ■ 

Water,  measure 

Stitndard  Basis 

Runner |  5.00 

Craneman 3.60 

Fireman 2.40 

4  pitmen    ...;.; 6.00 
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Dump,  foreman   .., 2  00- 

7  dumpmen '...'.'.]'.'.'.'.[  lo]50 

2  brakemtin    ■ ;.;  300' 

2    dinkeymen    ' './,'.'.'.'.'.'.'.."  520 

1   pipeman    ..: 150 

1  watbhman  1 ;. !!.,!!!!!:.!  XBO 

^  Tot»l  cost  of  direct  labor  per  day  $40  70 

■    Cost  per  cu.  yd.   (ct.) 2.81     ' 

., Report  No.  ,12.  Shovel  isfp.  843,  Inspected  July  10,  1909,  at 
Cleveland,  Ohio.  , 

This  shovel  was  working  during  July  on  a  deep  cut  on  the  L.  8. 
&  M.  S.  cut-oflf  south  of  Cleveland,  Ohio,  where  the  line  runs 
through  Brooklyn. 

The  finished  cut  was  to  be  for  a  four-trs^ck  line  and  the  bench 
on  which  the  shovel  was  working  at  the  ,time,  wa3';within  3  ft. 
of  finished  sub-grade.  On  the  south  side  of  the  cut  the  excava- 
tion was  to  grade  and  one  cut  more  was  needed  on  the  middle 
bench  to  finish  the, work.  The  remaining  3  ft.  to  the  sub-grade, 
0^1,  the  north  side  was  tp  be  taken  out  by  hand. 

The  shovel  was  to  go  t^irpugh  the  cut  once  more  on  the  cen- 
ter line,  or  a  little  to  the  left  otjit,  so  as  to  take  the  7-ft.  heading 
to  grade,  and  as  much  of  the   3- ft.   cut  on   the  north  side   as 


Fig.  40.     Typical  Cross  Section. 

Material.     The  material  was  dry  clay  and  disintegrated  shale. 

When  the  dipper  was  run  into  the  bank  the  material  broke  up 
into  fine  flake  spalls  almost  like  small  shells,  and  as  it  was  per- 
fe9tly  dry  it  could  be  handled  with  the  utmost  ease.  When  the 
shovel  was  near  the  bank  after  moving  up,  the  dipper  could  pene- 
trate to  half  its  depth  by  inertia  alone  before  the  crowding  en- 
giine  was  started,  thus  insuring  a  full  dipper  at  every  swing  even 
though  it  might  be  brought  but  half  way  up  by  the  hoisting  en- 
gine. The  dipper  was  dumped  easily  and  was  completely  emptied 
at  each  dumping.  When  an  attempt  was  made  to-4ieap  a  car,.ma- 
terial  was  almost  sure  to  be  lost,  as  it  was  so  light  and  flaky 
and  so  lacked  cohesion  that  it  would  run  over  the  side.  For  the 
same  reason  the;  dipper  had  tp  be  spptted  very  carefully :  befpre 
it  was  dumped. 

.  In  spite  pf  whatever  care  the  shpvel  runner  exercised  in  dump- 
ing his  dipper  and  the  brakeman  in  spptting  his  cars,  the  track 
had  tp  be  cleaned  after  each  train  pulled  put.     This,  pf  course, 
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was  done  by  the  pitmen,  and  often,  when  moving  up  occurred 
between  trains,  they  were  able  to  get  the  tracli  clear  and  look, 
after  their  regular  duties  as  well.  i 

When  moving  up  the  shovel,  a  2-in.  pipe  was  used  to  swing 
the  jack  blocks  clear  of  the  ground  instead  of  the  ordinary  wooden 
pole.  This  pipe  was  held  in  a  bracket  attached  to  the  jack  arm 
and  had  a  collar  about  4  in.  from  its  end,  which  kept  the  chain 
that  suspended  the  jack  block  from  slipping  along  the  pipe.  This 
pipe  was  held  by  the  bracket  and  was  always  in  place,  there  be- 
ing little  danger  of  its  breaking  or  splitting,  as  is  often  the  case 
with  wooden  poles.       ■        /      ' 

The  average  haiil  was  about  three  miles  over  very  rough  track. 
Three  standard  railroad  locomotives  were  Tised.  The  cars  ■  were 
the  most  modern  type  of  Western  "  air  dumps  "  of  12-yd.  capacity. 
They  were  built  in  two  sizes,  thtere  being  40  cars  with-  bodies  18 
ft.  9  'in.  long  and  Ave  cars  with  bodies  26  ft.  in  length.  All  were 
double  truck,  two-side  dumps  with  wooden  bodies.  Trains  were 
composed  of  15  cars  each.  Ten  men  worked  on  the  dump."  Xhe 
material  was  Unloaded  on  one  side  over  a  bank  about  40  ft.  high. 
When  the  track  was  not  near  the' edge  of  the  bank  a  spreader 
was'iised.  This  consisted  of  a  steel  scraper  plate  with  one  end 
hinged  on  the  trucks  of  a  flat  car  and  the  outer  end  supported 
by  a  line  from  a  block  on  the  floor  of  the  car.  The  spread  and 
depth  of  cut  could  be  regulated  by  one  man  on  the  ear,  but  often 
the  operator  of  the  spreader  was  helped  by  thie  brakeman  of  the 
train.  The  regular  dump  train  engine  was  used  in  operating  the 
spreader.  i,,,  i 

OBSERVATIONS 

Shoyel   ,.,.,;..,..  t . , ,. .  .70-ton  Bucyrus 

Size  of"  buckeli  ....' : 2%' 'yd. 

/        ■nljength  o(  shift ..,..,... aO.hr. 

Coal  used .^ 2%  to  2%  tons  per  day 

Water  u'Sed  6,O00  gallons  per  day- 
Standard  gauge  track ;  ■  55-lb.  rails. .  :         '  ,    [. 

Kind  and  size  of  dinlfey  Standard  locomotive : 

Length  of  haul .3  miles 

'  Number  of  trains 3  of  15  cars  each 

Note.— The  bank  was  dry '  and  the  pit  seemed  to  needi  no  draining. 
Material  "was'  easy  to  handle^  and  a  much  larger  .dipper. -could  ^ave  been 
used.  Four-yd.  cars  had  been  employed  previous  to  the  12-yd.  cars '  and  it 
was  found  that  two  swiags  of  a  i^/k-yd.  dipper  filled  these  cars  coinpletely; 
ssven  swings  of,  a  2V4-yd.  dipper  filled  the  12-yd.  cars  completely..  Pit,  crew 
w^s  composed  of  rather  green  men.  The  runner  said  he  could  move  up 
(6  ft.)  in  1  oi'l^  min.  in  sueh  a  pi't  with  a  good  crew.         ,  1  , 

■■'!       '■'■•  ■    ,.-.1   ■!  '   1    ;r--  .,     •     ,      Per  cent.  ■ 

-      Actual  T^orking  57.5 

Spotting  cars  '..: ;......; ;.... 

Changing  trains    9,1  .    . 


Shbvbr  taking  water 2.2 

Miscellaneous  ;  delays  ■ .2.9 


Totaltime  under  observation^  396  min 100.0 
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_,    ^     ,  ^.  -^  Standard 

Cost  of  Direct  Labor  (Loading)  Per  Day  basis 

Bunn$r 

Craneman     '.'.'.'.'. 

Fireman     ; |.,_ 

6  pitmen    ....'.'.       9.'o"6 

1  coal  passer  ; 1.50 


I  B.OO 
3.60 
2A0 


Number  of  Carloads  excavated  on  day  of  observa^on  99 

Cubic  yards  loaded  on  day  of  observation,  '90  x  12  x  0.83  =  900 
Based   on   the   performance   observed  the  cu.  yd,  loaded  per 
10-hr.   day  =  900  x  600  min.  =  1,360  cu.  yd. 

396?^  min. 

Cost  of  labor  per  day 21.50 

~ — ~ ^, = :  =  1.58  ct.  per  cu.  yd. 

Number  of  cu.  yd.  per  day  .        1,360 

Report  No.  13.  SbbVel  No.  666,  Inspected  July  17,  1909,  at 
Kent,  Ohio. 

This  work  was  part  of  that  done  for  correction  oi  line  on  the 
W.  &  L.  E.  R.  R.,  near  Kent,  Ohio.  . , 

Before  cutting  in,  this  shovel,  a  _70-ton  Bucyrus,  was  moved 
1,600  ft.  The  shovel  crew,  16  men,  foreman  and  1  team  were  en- 
gaged in,  this  work  for,  8  hr.,  at  a  total  cpst  of  $34.00,  or  2,12  et. 
per  ft.  moved. , 

'  i       -     .  .    ,,  Per  cent. 

Actual  working' ' 37.6 

Waiting  for  cars ; . .' , 21.9 

Moving  shovel   25,7 

Pulling  track    , ,........, 13.6 

Miscellaneous   delays 1.2 


Total  time  under  observation,  381  min. 10010 

Standard 
Cost  of  Direct  Labor   (Loading)  Per  Day  l)asis 

Bunner  'working ■.'■•..., $  5.00 

Craneman     .' '3.60 

Fireman     2.40 

6  pitmen ,■■■■■ 900 

.  $20.00 

Number  of  cars  loaded  on  day  of  observation,  189  X  4  yd. 

-Cubic. yaj.ds.lo^de.d  on  day  of  observation 189x4  =  756. 

Based  on  performance  observed,  the  cu,  yd,  loaded  per  10-hr. 

600  min, 

day  ^  .756  X ^ =  litSO. 

381  ft.  22  in. 

'Cost  of  labor  per  day $20.00  ■     - 

=  — —  —  1.68  ct.  per  cu.  yd. 

•Number  of  cu.  yd.  per  day  .        1,190 

Report  No.  16.  Shovel  No.  980,  Inspected  Aug.  2S,  1909,  at 
Chicago,  111. 

This  shovel  of  the.  TD-ton  class  was  owned  by  the  American 
Brick  Company,  and  was  at  one  of  their  yards,  about  1.5  miles 
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outside  of  Chicago,  employed  in  digging  clay.  The'  boom  and 
dipper  handle  were  of  steel  and  the  boom  waa  truss  shaped. 

Three-yard  narrow  gauge  cars  were  used,-  which  could  be 
dumped  on  one  side  only. 

The  arrangement  shown  on  the  sketch  and  photographs  worked 
satisfactorily,  since  witfi  four  cars  the  granulator  was  well  sup- 
plied with  material.  The  time  for  a  round  trip  was  obtained 
several  days  after   the  observations  were   made   on  the   shovel. 


'"'"'"•'"»iad.m,m^^^^ 


Fig.  41.     Arrangement  of  Tracks  and  Incline  Plane  at 
Brick  Plant. 

The  shovel  was  then  located  at  the  foot  of  the  incline,  so  that 
no  horses  were  necessary  and  only  one  car  was  used.  One  man 
at  the  bottom  of  the  plane  hooked  the  cable  to  the  cars.  He  also 
assisted  in  moving  forward. 

OBSERVATIONS 

Capacity  of  dipper  2%  yd. 

Number  of  cars  loaded  166 

Cubic  yards   excavated    , 498 

Coal   used , 1.3  tons 

Number  of  times  moved  forward   2 

Area  of  section  of  face 830  sq.  ft. 

Height  of  face - 10  ft.  to  26%  ft.,  average  18  ft. 

Per  cent. 

Actual    working    32.8 

Waiting  for  cars   58.4 

Moving  shovel    1.7 

Idle 

,  Tightening  bolts  on  bull  wheel  engine  0.2 

Firing     0.2 

Oijing    1,1 

Car  off  track  4.6 

Repairing  track    0.7 

Miscellaneous  delays 

Moving  boulder  0.1 

Clearing  track  0.2 

Total  time  under  observation,  471  min 100.0 

Standard' 
basis  ' 

Runner     %  5.00 

Craneman 3.60 
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Standard 


2  pitmen    ........^ 3,00 

1  liooker-on 1.50 

2  drivers    \  300 

2  horses '_'_.,  3^00 

Hoisting  engineer   2.40 

1  dumpman  .,'.'. ; 1.60 

Total  cost  of  labor  per  day   $23.00 

Cost' per  day  per  cubic  yard  ' 4.62 

^.  No. 

Dipper  performance  Min.  Av.  Ma.x.  Obs. 

Digging    ~) ;        5,5  10.7  17  30 

Swinging  loaded  I  Time  in.. i 3.0  BiO  14  28 

Swinging  empty  (seconds 4.0  5.5  9  25 

Palling     ....| ...:.        2.0  2.9  4  20 

Time  to  fill  and  load  one  dipper-  —  —  — 

ful 14.S  25.7  44 

Time,  for  a  complete  swing 
Minimum         Average  Maximum         No,  Obs. 

Seconds     ....  19  26.2  31.5  19 

Report  No.  /7.  Shovel  No.  424,  Inspected  Sept.  2,  1909,  at 
Riverdale,  111.  -  ' 

This  machine,  a  65-ton  shovel;'  was  new  when  the  brick  com- 
pany bought  it  and  had  been  used  by  them  ever  since  (about 
eight  years)  to  dig  out  clay.  A  chain  was  used  for  hoisting,  but 
the  swinging  was  done  with  a  steel  cable.  The  cuttingviedge'  of 
the  dipper  was  a  solid  plate  extending  18  in.  beyond  the  lip  and 
riveted  to  the  latter,  being  rounded  off  and  drawn  out  to  a  sharp 
edge  in  front.  The  face  against  which  the  shovel  worked  was 
very  high  (26  ft.)  and  it  frequently  caved  in,  sometimes' falling 
upon  the  dipper,  causing  considerable  strain  on  the  dipper  handle 
and  crane  engine.  ■  ,    .     1   , 

The  clay  in  the  pit' was  very  heavy,  but  was  not  blasted  before 


The  engineer  did  his  own  firing  and  the  craneman  superin- 
tended the  moving  forward.  One  of  the  two  pitmen  saw  that  the 
track  was  not  obstructed,  threw  the  switch  for  the  cars,  the  other 
looked  after  the  jacks  and  the  pit. 

The  cars  were  all  provided  With  2-hp.  motors,  to  which  cur- 
rent a,t  125  volts  wa's  supplied  through  a  third  rail  in  the 
middle  of  the  tracks.  The  capacity  of  the  cars  was  3.12  cu.  yd., 
but  they  were  heaped  full.  They  dumped  on  one  side  only.  The 
top  of  each  car  was  five-  feet  above  the  track.  They  did  not  move-' 
very  fast,  but  their  motion  was  constant  and  the  service  was  sat- 
isfactory. The  Steepest  grade  was  5%  agaijist  the  empties,  but 
even  here  the  speed  was  noticeably  reduced,  so  that  it  is  not 
likely  that  cars  of  such  low  horse-power  would  be  of  use  to  a 
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contractor  under  the  usual  conditions.  Seven  horse-power  ears 
were  tried  on  this  track,  but  were  found  to  be  too  fast  and  easily 
became  "derailed.  The  cars  were  run  by  one  man,  who  controlled 
switches  located  at  about  the  center  of  the  system,  which  was 
divided  into  seven  circuits,  each  controlled  by  a  single-pole  knife 
switch,  so  that  the  operator  could  control  each  individual  car  at 
any  time  and  at  any  place  along  the  line.  At  the  end  of  each 
branch,  or  where, a  car  was  switched  back  on  another  track,  the 
reverse  switch  was  thrown  by  ah  automatic  contrivance,  which 
was  simply  a  small  steel  frame  with  a  bent  bar  that  knocked 
the,  reverse  lever  up  as  the  car  passed  by.  At  the  end  of  the 
line,  where  the  cars  were  loaded,  one  of  the  pitmen  knocked 
down  the  lever  when  the  car  was  ready  to  start,  and  the  switch- 
man, seeing  this  done  from  his  shed,  closed  the  switch  for  that 
circuit.  When  the  cars  ran  out  to  the  shovel  the  switchman  had 
to  open  the  circuit  when  they  neared  the  end;  then,  just  as  they 
struck  the  bumper,  which  was  part  of  an  old  hoisting  chain 
wrapped  around  one  rail,  the  pitman  placed  a  block  under  the 
wheels.  ;  The  third  rail  runs  to  the  foot  of  the  incline,  where  a 
wire  cable  is  attached,  and  the  cars  were  drawn  up  by  an  elec- 
trically operated  hoisting  engine. 

I  AH  the  switches  worked  automatically  by  springs,,  there  being 
no  one  to  attend  to  the  cars  after  they  passed  the  switchman  and 
until  they  arrived  at  the  foot  of  the  incline,  where  a  man  at: 
tached  the  cable. 

There  are  two  granulators  in  the  mill,  but  only  one  was  in  use 
so  that  the  shovel  was  often  delayed  waiting  for  the  oars  to  be 
dumped,  and  returned.  When  both  machines  were  run,  however, 
there  was  more  work  fpr  the  shovel,,  and  a, fireman  was  furnished. 

Ground  up  brick  powder  was  used  on  the  rails  in  place  of  sand 
tO'  keep!  the  shovel  wheels  from  slipping  when  moving  up, , 

OBSERVATIONS 

Weight   ..'. : . .  .68  tons 

Capacity  of  dipper '--^M  cu.  yd. 

Height  of  dinkey  tracks  above  shovel  tracks   '. 25  ft. 

Number  of  cars  loaded  IBS 

Cubic  yards  excavated  (place. measure)   474. 

Number  of  times  moved  forward   3' 

,  ,   ,  ,  Per  cent. 

Actual    working '. 33.S 

Waiting  for  cars 59.5 

Moving  shovel '  .r. 2.3 

Idle 

Engineer    firing    '. 0.9 

Axle  box  kftocked  out  of  car  2.3 

Tightening   japks    0.1 

,  Miscellaneous  delays  ,      .   .  ; 

Clearing  trick   ...'. ,.  1.1 

Total  time  under  bliservatioii;  475  min.   100.0 
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.    Runner    .  — {  5.00 

Craneman     3.60  ' 

2  pitmen "■     3.00 

1  controUerman    ,   2,60 

1  cableman ,..'.  "1,50 

1  hoistman    .  .i :. .'.  ..■ ' '.:..'/.:■'. j..  1150  ■ 

1  cardumper    ,,....,id..,.  1.50     , 

1  watchman 1.50             ' 

Total  cost  of  labor  per  day  : $20.20 

Cost  per  cubic  yard    .,.'..^'.'.'...       i.Zl 

Yearly  Repair  Cost  ;  i    ., 

Tear  ~  Cast 

1903 : t   273.20 

1904 70,88 

1905      -.... i 138.20 

1906 37B.12 

1907     47.65: 

1908     116.43 

1909 266.86      ' 

Total  for  6^  years   $1,288,24 

,      To   this    must   be    added,    for    boiler    repairs, 

-■  -     'including  labor i        200.00 

■  ■.  ■  u  Maximum  ==  $375 
Average  =198 
Minimum   =      48    Not  including  boiler 

Report  No.  19.  Shovel  No.  517  at  Buhl,  Minn,,  ia  of  interest 
in  that  it  reports  that  the  jack  blocks  for  this  shovel  were  slightly 
different  from  the  ordinary  ones.  Mr.  Butler  said  that  they  had 
been  trying  different  kinds  and  had  found  that  pyramiding  several 
thin  ones  was  better  than  the  use  of  large  heavy  blocks.  The 
ground  block  in  this  case  was  4  ft.  by  6  ft.,  composed  of  3  layers  pf- 
2-in.  by  10-in.  stuff.  The  top  and  bottom  members  run  the  6  ft. 
lehgth  of  the  block.  The  ne.vt  block  was  3  in.  by  3  in.  by  4  in, 
{bicker,  the  next  2  ft.  6  in.  by  2  ft.  6  in.  by  4  in.  and  the  top 
block  2  ft.  by  2  ft.  by  4  in.  The  jack  plate  rested  on  this  with  a 
base  about  I  ft.  square.     The  plate  was  free  from  both  block  and 


Extra  large  and  strong  teeth  are  necessary  in  this  mine  because 
of  the  nature  of  'the  digging.  Teeth  weighing  460  lb.  each  are 
used  and  these  are  often  bent  and  broken  i  lOne.  tooth  was  ob- 
served which  had  been  bent  over  and  down  until  it  lay  against 
the  lip  of  the  dipper. 

Steam  Shovel  Work  in-  Iron  Ore.  Very  unusual  efficiency  is 
shown  by  the  investigation  of  the  work  done  in  the  iron  ore 
regions  of  Michigan  and  Minnesota.  :  There  seem  to  be  the  fol- 
lowing reasons  for  this:  1.  The  work  is  largely  in  the  nature  of 
a  permanent  installation,  and  consequently  years  of  study  on  one 
job  have  developed  an  efficiency  that  a  contractor,  is  not  .likely  tp 
attain  on  one  eompiiratively  short  piece  of  work  with ,  uniform 
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conditions,  or  on  many  jobs  with  varying  conditions ;  2.  The  ma- 
terial is  generally  quite  uniform,  and  presents  month  after  month 
and  year  after  year  fewer  new  and  strange  conditions  than  does 
the  average  run  of  rock  work,  therefore  the  problem  is  simpler; 
3.  It  appears  that  the  companies  operating  in  this  region, for  some 
reason  are  in  the  habit  of  studying  their  unit  costs  more  syste- 
matically than  the  average  contractor's  organization.  Study  of 
these  costs  invariably  leads  to  more,  economical/  work,  wherever 
we  have  observed  them. 

The  nptable  feature  in  ore  handling  is  its  great  density,  involv- 
ing a  much  greater  amount  of  power  to  raise  a  cubic  yard,  than  in 
the  case  of  the  earths. 

The  shovel  ordinarily  employed  weighs  from  65  to  90  tons, 
though  larger  ones  are  used,  and  will  handle  from  two  to  five 
tons  of  ore  at  each  swing  of  its  dipper. 

,Many  of  the  companies  use  standard  gauge  equipment  entirely 
and  this  simplifies  their  work  immensely;  for  instance,  if  neces- 
sary, the  loading  track  can  be  broken  behind  the  shovel  and  the 
shovel  moved  back  on  that  track  at  any  time.  Generally,  how- 
ever, a  standard  gauge  track  is  laid  keeping  within  40  or  60  ft. 
of  it  and  when  the  shovel  has  finished  a  cut  it  backs  up  on  this 
track,  which  at  once  becomes  the  loading  track  for  the  ne.i:t 
shovel  cut. 

'  In  the  stripping,  as  done  in  the  Sellers'  Approach,  the  teeth 
on  the  dipper  have,  to  be  renewed  at  least  once  a  week  and  this  is 
generally  done  every  Sunday.  It  sometimes  becomes  necessary,  to 
replace  a  single  tooth  or  perhaps  two  of  them  during  the  week, 
but  each  shovel  is  supposed  to  use  4  teeth  per  week  and  this 
average  holds  as  a  general  rule.  In  ore  the  teeth  are  supposed  to 
last  a  month.  They  are  never  broken  and  seldom  bent  and  all 
wear  down  evenly.  They  wear  from  the  outside  or  the  bottom, 
as  one  craneman  expressed  it,  and  so  keep  thepiselves  sharpened. 
They  are  allowed  to  wear  down  within  about  6  in.  of  the  lip 
and  the  short  blunt  teeth  thus  obtained  seem  to  make  no  difference 
in  the  digging. 

The  cars  used  for  earth  are  of  the  7-yd.  side-dump  type. 
For  ore  the  one  most  commonly  used  is  the  I00,000-lb.  pressed 
steel  hopper  car. 

For  strij)ping,  the  shovel  crew  is  the  usual  organization  with 
4  or  6  pitmen,  varying  with  the  nature  of  the  work.  The  number 
is  generally  4,  with  2  extra  men  to  clear  track.  These  two  men 
are  called  "  rock  men  "  and  are  used  dn  the  pit  only  in  case  of 
emergency.  When  loading  ore  the  pit  crew  is:  always  4  and  the 
rock  men  may  number  as  many  as  8.  The  rock  gang  varies  ac- 
cording to  the  nature  of  the  ore  being  loaded.     If  the  ore  breaks 
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out  in  large  pieces  it  has  to  b&  sledged,  and  if  taeonite  occur  this 
must  be  removed.  On  No.  1083  there  were  6  rock  men  in  the  pit 
and  two  in  the  cars  throwing  out  .rock  and  suspicious-looking,  ore, 
All, pieces  of  rock  or  taeonite  too  large  to  lift  by  hand  and  too 
hard  to  break  are  thrown  by  the  shovel  as  far  back  as  possible 
and  left.  The  pieces  that  the  men  can  handle  are  thrown  down 
near  the  loading  track  at  the  foot  of  the  bank  to  be  loaded  later. 
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Fig.  42.     BeportiForm  for  Shovel  Work. 


This  loading  is  done  as  follows:  Several  dump  cars  are  left  at 
each  fihovel.  When  a  train  arrives  to  he  loaded  these  cars  are 
coupled  to  the  front  end  of  it  and  pushed  along  with  the  train. 
When  loaded,  the  train  spots  the  dump  cars  at  the  shovel  and 
pulls  out,  leaving  them  there.  The  shovel  then  picks  up  what 
it  can  of  the  pile  of-  rock  by  the  loading  track  and  what  it  can- 
not get  hold  of  readily  is  thrown  into  the,  dipper  by  hand. 
This  is  then  dumped  into  the  cars.  When  the  next  ore  train  ar- 
rives it  simply  pushes  the  dump  cars  out  of  tlie  Way,  loads  and 
again  spots  the  cars  and  pulls  out.     When  rook  is  loaded  into  the 
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cars  with  the  ore  there  Is  sometimes  a  slight  delay  when  the  two 
workmen  on' the  cars  jump  down  to  pick  it  oUt.  If  there  is  much 
of  it,  or  if  it  has  to  be  sledged,  the  loading  must  be  stopped 
while  the  men  finish  their  work. and  get  out  of  the  way.  In 
such  cases  the  full  dipper  is  held  just  clear  of  the  car,  While  the 
men  move  aside,  immediately  after  which  the  swingas  completed. 
This  delay  does  not  amount  to  much  for  each  swing,  since  it  is 
only  a  few  seconds  long,  but  if  much  rock  should  be  loaded  with 
the  ore  the  delay  might  amount  to  several  dippers  full  per  day. 

Work  is  seldom  stopped  by  rain  and  it  may  be  said  that  during 
the  shipping  season  the  loading  of  ore  is  never  interrupted  be- 
cause of  the  weather. 

Report  No.  2^.-  Shovel  1127,  Inspected  Sept.  10  and  11,  1909,  at 
Ironwood,  Mich. 

Material.  This  shovel,  a  70C,  was  engaged  in  hematite  iron 
ore  stock  pile  work.  The  function  of  the  so-called  "  stock  pile " 
is  to  keep  the  mine  running  at  its  full  capacity  the  year  round. 

General  Conditions.  During  the  navigation  season  the  mined 
ore  is  brought  up  in  skips  from  below,  and  dumped  into  the  two 
pockets  and  thence  into  the  ore  cars.  The  loaded  cars  are 
then  hauled  to  the  docks  and  dumped  into  -the  pockets  there. 
From  here  it  runs  by  gravity  into  the  ore  vessels. 

When  navigation  closes  and  it  is  no  longer  possible  to  ship  ore, 
work  is  begun  on  the  stock  pile.  The  principle  of  construction  is 
much  like  that  of  an  immense  fill  on  railroad  work.  The  ore  is 
mined  and  brought  up  in  skips  and  dumped  into  the  pockets  as 
usual.  From  here  it  is  dropped  into  cars,,  which  are  run  out 
upon  the  trestle  work  and  dumped.-  Usually  planking  is  laid  on 
the  ground  to  receive  the  ore.  Stock  piles,  of  course,  vary  in  size 
according  to  the  output  of  the  mine.  This  one  was  Exceptionally 
large,  being  some  900  ft.  in  length  and  almost  30  ft.  high.  An 
important  feature  of  a  large  stock  pile  is  that  it  permits  the  use 
of  a  long  train  and  materially  reduces  the  lost  time  due  to  switch- 
ing. The  ore  thus  stored  in  winter  is  loaded  into  cars  during  the 
navigation  season  by  steam'  shovels. 

OBSERVATIONS 

Type  shovel Bucyrus  70-ton 

Size  of  bucket  ..'.'.'.. i%  yd.,  4.27  tons  average 

Length  off  shift. , 10  hr.     , 

Coal  used  , , About  2V^  tons  in  10  hr. 

Oil  used Black,  0.55  gallons ;  cylinder,  0.89 

gallon ;  engine,  0.66  gallon,  in  10  hr.    . 

Water  used  4,500  gallons  in  10  hr. 

Boiler  cleaned  once  in  four  weeks,  on  Sunday. 

Kind  of  track  45-lb.,  standard  gauge 

,  American   Oar   and  Foundry   Co.  steel  ore   cars,   capacity  40 

_   tons,  but  carrying  47  tons  each. 
Kind  and  size  of  dinkey :    Fairly  heavy  switch  engine  is  used. 
One  engine  for  spotting. 
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DEDUCTIONS  PROM  OFFICE  RECOED  OF  SHOVEL 

No.  days  worked 23 

Total  tons  output    /....:. 69,560 

Tons  per  day  3,024 

No.  tons  per  dipper   4.27 

No.  dippers  per  car  ..;..- '...!.;:. ....... .i:.. 11 

Average  No.  of  cars  of  47  tons  loaded  per  day  63.4 

Average  of  23  days  .  Per  cent. 

Actual   working    63.1 

Ghangiug  trains^ 15,4 

Moving  shovel    11.5 

Miscellaneous   delays > 20.0 


Total  time  under  observation,  600  min. 


100.0 


Standard 
Cost  of  Direct  Labor  (Loading)  per.  Day  '  basis 

Engineer     ...'..., $  5.00 

Craneman 3,60 

Fireman     2.40 

6  pitmen 9.^ 

$20.00 
Tons  excavated  per  day   (average  23  days),  3,024.    Two  tons 

per  yard,  1,612  eu.  yd.  per  dayi      '■'  ■    ■ 
Cost  of  labor  per  day,  $20.00. 

■  $20.00 

Cost  of  labor  per  day,  per  cu.  yd.  (load  only) ^=:  1.32  ct. 

per  cu.  yd.  1,512 
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Fig.  43.     "Report  Form  for  Shovel  Work. 
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'  Report.  No.  3Jf.  Shovel  No.  1097,  Inspected  July  26  and  28, 
1909,  near  Johnsonburg,  N.  J.  The  shovel  was  working  in  shale 
and  limestone  on  Section  No.  5  of  the  D.  L.  &  W.  cut-off. 

OBSERVATIONS  —  GENERAL 

Weight   .'. 70  tons 

Capacity  ot  dipper  i%  cu.  yd. 

Capacity  of  cars,  water  measure  4;00  cu.  yd. 

Number  of  cars  in  train  8  and  10 

Length  of  haul   ...7,500  ft. 

Length  of  runaround,  1st  day,  3.37  miles;  2nd  day,  3.35  miles 

Weight  of  dinkeys  18  tons 

Style  of  car,  side  dump  on  one  side  only. 

G-auge  of  dinkey  tracks '. Narrow 

Number  of  trains .7 

Average  time  for  round  trip   45  min. 

Maximum  grades  for  loads .4.0% 

Complete'  trains  for  grades  ?    Yes. 

Time  traveling  to  dump 18.8  min. 

f  ime  traveling  from  dump  to  shovel  17.7  min. 

Time  to  dump  cars  4.9  min. 

OBSERVATIONS  —  FIRST  DAY 

Number  of  cars  loaded   296 

Cubic  yards,  place' measure  , 1,065  yd. 

Total  distance  moved  forward  during  day  79^  ft. 

Average  time  for  one  move  6.5  min. 

Average  distance  moved  forward  each  time  6%  ft. 

Minutes  per  working  day  less  time  for  accidental  delays  ...518 

Area  of  section  of  face  '. 210  sq.  ft. 

Average  height  of  face 4%  ft. 

Coal  used  2.3  tons 

Per  cent. 

Actual  working 53.4 

Sp.otting    cars    0.3 

Waiting  for  cars    22.0 

Moving  shovel    15.3 

Miscellaneous    delays    (9.0) 

Clearing  away 8.4 

Breaking  bank    ^ 0.2 

Placing  car  on  track   7 0.4 

Total  time  under  observation,  518  min 100.0 

Standard 
Cost  of  Direct  Labor  (Loading)  per  Day    ^  basis 

Runner %  5.00 

Craneman 3.60 

Fireman 2.40 

8  pitmen   ; ■ 12.00 

$23.00 

Cubic  yards  loaded  on  first  day  ot  observation  1,065 

Based  on  the  above  performance  the  cu.  yd. '  loaded  per  day 

600 
of  10  hr.  =  1,065  X  —  =  1,235 

518 
Cost  of  direct  labor  per  day       $23.09 

■■ = =  1.86  ct.  per  cu.  yd. 

Number  of  cu.  yd.  per  day  1,235 
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^    i"   .  ,,     .       «  Standard 

Cost  of  Moving  Back  basis 

Runner  for  1.59  days  @  $6 $    7.95 

Oraneman  for  1.59  days  @  $3.60  5  72 

■  Fireman  for  1.59  days  @   $2.40  382 

14  laborers  for  17V4  lir.  @  $0.15  3675 

2  drivers  for  17%  hr.  @  $0.15  B.25 

,  2  horses  for  1.59  days  @  $1.50, 4^77 

4  pipe  fitters  for  1.59  days   @  $2  , 12.72 

Coal,  2  tons   @  $3.§0  ;...  7.00 

Oil  and  waste   lloo 

Shifting  track 

10  labbrers  for  IVA  days   @  $0.15  26.25 

1  foreman  for  1.59  days   @  $2  3.18 

Tearing  down  trestle 

6  laborers  for  5%  hr.  %  $0.15  .'. 4  95 

2  horses  for  %  day  @  $1.50  lisO  , 

Coal,  2  tons,    @   $3.50 7.0O 

Oil  and  waste /. ; 1.00 

Total  cost  to  move  back  $128186 

Total  distance ,  moved   820  ft. 

Total  time  actually  moving l,day 

Total  time  idle  1.59 

Number  of  men  employed  60* 

Cost  per  ft.  moved   16.71  ct. 

Cost  per  ft.  per  man   262  ct. 

*  Includes    pulling    down    trestle,    shifting    track,    and    one 
horse  equal  to  four  men. 

OARS  LOADED  DURING  SIX  MONTHS 

Total  for  month      Daily  average 

February,  1909 4,388  183 

March     5,248  202 

April    5,096  204 

May      6,241  250 

June     5,622  216 

July,  1  to  24  inc 3,275  155 

HAULING  RECORDS  —  DINKEY  TRAINS 

Minimum  rate  in  ft.  per  min. 17S,4 

Average        "     "    "      "        "     317U 

Maximum       "     **    "      "         " 440.1 

Minimum  time  for  trip 45  min. 

Average         "       "       " 61;7  min. 

Maximum     "       '*       '*      95  min. 

Report  No.  35.  Shovel  No.  795,  Inspected  Aug.  10,  1909,  near 
Columbia,  N.  J. 

The  ears,  were  built  by  the  Western  Wheel  Scraper  Company. 
Some  of  them  dumped  on  both  sides  and  some  on  one  side  only. 
They  measured  110  x  83  x  19  in.  and  were  5  ft.  6  in.  above  their 
tracks.  When  loaded  with  stone  they  averaged  about  2^  yfi. 
Three  18-ton  Vulcan  dinkeys  were  used  at  each  Bhovel>  with  an 
extra  one  which  during  inspection  held  trains  back  in  descending 
a  steep  grade  ending  in  a  sharp  curve.     In  order  to  dump  from 
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the  trestle  it  was  necessary  for  the  dinkey  to  run  around  the 
train,  as  they  always  pulled,  instead  of  pushing,  the  ears  when 
running  loaded.  This  took  from  two  to  three  minutes.  Then, 
after  dumping,  it  was  necessary  for  the  dinkey  to  switch  back 
again,  but  aa  this  was  a  flying  switch  very  little  time  was  lost. 
Under  the  observed  conditions  it  was  necessary  for  the  dinkey- 
to  uncouple  while  the  car  next  to  it  was  loaded.  The  reason  for 
such  an  arrangement  appears  to  be  in  the  fact  that  the  Cars  ride 
better  when  being  hauled  than  when  pushed,  and  in  this  connec- 
tion it  should  be  remarked  that  the  number  of  derailed  cars  was 
very  small.  Th6  dinlceys  maintained  a  steady  pace  that  was  not 
as  fast  as  on  some  other  jobs,  but  which  made  better  time  in  the 
end  because  the  chances  for  a  car  to  jump  were  diminished. 

BATE  OF  MOVING  TRAINS 

Distance 12,600  ft. 

Running  time'  15  min. 

Rate  840  ft.  per.  min. 

Delays    54%  min. 

Total  time  for  round  trip  69%  min. 

Cost  to  Move  Shovel  (65-ton)  from  Siding  Standard 

-to 'Work                  '  basis 

Runner,  40  hr.  @  $0.50  $  20.00 

Craneman,  40  hr.   @   $0.36  14.40 

Fireman,  40  hr.    @    $0.24   ..•; 9.60 

Watchman,  40  hr.  @  $0.15  6.00 

Fireman,  ,40  hr.   @  $te.20  8.00 

Laborers,  745  hr.    @   $0.15   111.75 

Team  — ties,  40  hr.-@  $0.30  12.00 

Team  — coal,   20  hr.    @   $0.30 6.00 

Cpal  and  oil   4.50 

$192.25 

RATE  OF  MOVING  TRAINS 

(Shovel  350,  Report  No.  42) 

Distance      : 16,000  ft. 

Running   time .' 28  min. 

Rate : . .  .604.8  ft.  per  min. 

Delays     .- 34  min. 

Total  time  for  round  trip  ; 62  min. 

Hints  on  Steam  Shovel  Work.  The  following  are  taken  from 
the  many  suggestions  on  Steam  Shovel  work  given  in  the  Hand- 
book on  that  subject  which  is  published  by  the  Bucyrus  Co. 

Handling  Trench  Sheeting  Under  a  Shovel.  Report  No.  9  re- 
lates to  a  70-ton  shovel  used  in  digging  a  sewer  trench. 

It  was  new  and  of  the  latest  design.  Its  distinguishing  features 
were  the  location  of  the  operating  levers,  those  being  placed  about 
5  ft.  outside  the  shovel  housing;  the  long  dipper  handle;  and 
the  support  upon  which  the  shovel  rested.  The  operating  levers 
were  placed  outside  of  the  shovel  house  so  that  the  operator  might 


COSTS  WITH  STEAM  AND  ELECTRIC  SHOVELS      467 

have  an  unobstructed  view!, of  the  bottom  of  the  tr^anch. .  The 
dipper  handle  was  54  ft.  long  so  that  it  could  reach  into  the 
deep  trench  which  was  26  x  16  ft.  Both  it  and  the  boom  were  of 
wood  and  were  steel  plated. 

The  I  shovel  orew  consisted  of  engineer,  craneman,  fireman  and 
seven  rbllermen.  There  were  also  employed  ,  six  trimmers,  six 
bracWs  and  one,  foreman  following  the  digging. 

To,  move  the  shovel  backward  or  forward,  a  cable,  hauled  on  by 
the  main  engines,  was  led  out  to  a."  dead  man."  By  actual  tim- 
ing the  shovel  was  moved  back  416  ft.  in  3%  hr. 

Two  days  were  spent  in  observing  this  shovel.  On  the  first  day 
the  top  soil  to  a  depth  of  10  ft.  was,  removed  and  on  the  second 
day  the  remaining  depth  of  .26  ft.  was,  taken  out.  As  thei  shovel 
excavated  the  trimmers  followed  it,  trimming  down  the  sides  for 
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Eig.  44.    Method  of  Bracing  Trench. 

the  bracers  who  followed  with  the  sheeting.  Two  I-bea,ms  about 
50  ft.  long  are  placed  as  shown  in  the  sketch,  so  that  when  the 
next  bench  is  taken  out  and  it  is  necessary  to  draw  the  braces  the 
I-beams  hold  the  sheeting  and  the  shovel  works  between  the  jack 
screws.  When  the  shovel  moves  forward  the  jack  screws  are 
slightly  loosened  and  the  I-beams  are  attached  to  the  shovel  and 
hauled  forward  with  it,  the  wooden  bracing  being  placed  behind 
the  I-beams.     This  being  a  new  shovel  there  had  been  no  repairs. 

Handlmg  Shovel  Track  on  Stock  Pile  Work.  The  stock  piles 
are  built  to  considerable  height  and  are  apt  to  cave  in  and  cause 
trouble  when  undercut  by  the  shovel.  ; 

In  view  of  this  fact  the  method  of  keeping  a  continuous, track 
behind  the  shovel  was  used  on  shovel  1074,  report  No.  27,  so  that 
it  could  move  back  at  a  moment's  notice.  This  was  done  by  hav' 
ing  enough  extra  6-ft.  sections  of  rail  which  could  be  left,  behind 
in  place  until  the  shovel  had  moved  forward  far  enough  for  a  reg- 
ular full  length  rail  section-,  ta  be  put  in  by  the  track  gang. 
When  the  shovel  became  buried,  the  iirst  thing  to  do  was  to  dear 
the  jacks,  thei  next  to  move  back,  and  the  last,  to  shovel  up  Ihe 
fallen  material  and  then  move  ahead  until  another  slide  i  occurred. 
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For  shovel  1083,  report  no.  28.  Both  the  shovel  and  loading 
track  were  standard  gauge,  laid  with  standard  ties  and  50  or 
60-lb.  rails.  The  shovel  was  moved  forward  on  6-ft.  sections 
with  the  usual  plate  connections  and  bridles,  but  as  soon  as  it 
had  moved  about  fifty  feet,  a  standard  traclj,  which  was  laid  in 
the  rear  of  the  shovel,  wsts  extended  for  a  rail  length  and  was  so 
carried  along  directly  behind  the  shovel.  When  the  shovel  was 
ready  to  move  back  this  track  was  connected  with  the  shovel  track 
and  the  shovel  had  a  continuous  standard  track  to  move  on. 
This  track  then  became  the  loading  track  for  the  next  cut,  and 
that  previously  used  as  a  loading  track  was  torn  up. 

In  one  case  in  order  to  cut  in  more  rapidly  than  is  possible 
with  the  ordinary  5-ft.  rail  sections,  small  1-ft.  sections  were  used 
between  the  5-ft.  rail  sections  to  make  the  shovel  track,  more 
flexible.      | 

Taking  Down  Boom  and  Dipper.  Shovel  No.  700  was  being 
dismantled  preparatory  to  taking  boom  and  dipper  into  the  shop. 
The  process  is  as  follows:  An  empty  flat  car  is  placed  on  the 
track  directly  ahead  of  the  shovel.  The  dipper  is  then  thrust 
out  as  far  as  possible  by  the  crane  engine  and  allowed  to  rest  on 
the  far  tend  of  the  flat  car  and  on  the  left  hand  side.  The  hoisting 
chain  is  then  slackened  and  the  bight  pulled  down  between  the 
two  sides  of  the  dipper  handle.  A  stout  rod  is  then  thrust  in  be- 
tween this  bight  and  the  underside  of  the  dipper  handle  near 
its  upper  end.  After  disengaging  dipper  handle  from  the  rack 
pinions,  it  is  slowly  lowered  to  the  flat  car  by  paying  out  the 
hoisting  chain.  The  hoisting  chain  is  then  released  from  the 
padlock  and  wound  up  on  the  drum.  The  end  of  the  hoisting 
chain  is  then  pulled  out  and  passed  over  a  pulley  suspended  from 
the  A  frame;  thence  up  the  boom  and  around  a  sheave  at  its  top 
and  thence  back  to  the  top  of  the  A  frame  to  one  leg  of  which 
it  is  securely  fastened.  The  boom  is  then  raised  slightly  by  the 
,  hoisting  engines  until  the  strain  is  removed  from  the  tie  rods 
which  connect  the  upper  end  of  the  boom  and  the  top  of  the  A 
frame.  These  tie  rods  are  now  uncoupled  from  the  top  of  the 
A  frame  and  gradually  eased  down  onto  the  car.  The  method 
used  for  thus  lowering  the  tie  rods  is  as  follows:  A  stick  of 
round  timber  some  4  in.  in  diameter  and  4  ft.  long,  to  which  a 
pulley  is  lashed,  is  jammed  into  the  head  of  the  A  frame. 
Through  this  block  a  rope  passes  from  below  and  is  secured 
to  the  upper  end  of  the  tie  rods,  one  at  a  time.  A  workman  holds 
the  lower  end  of  the  rope,  and  so  the  tie  rods  are  let  down 
gently. 

The  boom  itself  is  now  supported  only  by  thq  hoisting  chain 
and  this  is  now  slacked  away  until  boom  rests  on  the  right  hand 
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side  of  the  flat  car.  The  hoisting  chain  is  then  disengaged  and 
wound  up  on"  the  drum'.  The  shovel  then  backs  up  a  little,  thereby 
removing  the  lower  end  of  the  boom  from  its  sopket.  A  timber 
is  then  placed  between  the  front  of  the  shovel  proper  and  the 
end  Of  the  boom  and  the  shovel  moved  forward  until  the  boom 
is  pushed  over  the  flat  car  ,far  enough  to  be  Clear  of  the  end. 
The  only  thing  remaining  to  be  done  is  to  take  down  the  block 
suspended  from  the  top  of  the  A  frame  and  place  it  on  the  car 
with  the  boom  and  dipper. 

At  one  job  examined,  report  No.  30,  the  contractor  had  three 
machines  of  exactly  the  same  type  which  enabled  him  to  keep 
a  large  number  of  spare  parts  on  hand.  These  machines  had 
jacks  that  could  be  swung  toward  the  shovel  so  that  in  passing 


Fig.   45.     View   Showing  Device  for  Turning  CSirs. 

narrow  places  it  was  only  necessary  to  loosen  the  brace  and  swing 
the  jacks  to  one  side.     This  feature  proved  to  be  a  great  help. 

The  method  employed  here  was  similar  to  that  at  Shovel  No. 
893  ( see  report  No.  6 )  and  consisted  in  laying  standard  length 
rails  for  a.  considerable  distance  preparatory  to  moving.  When 
the  inspectors  arrived  the  rails  had  all  been  laid  and  hkd  been 
run  into  the  dinkey  tracks,  which  had  been  widened  to  a  standard 
gauge  for  a  distance  of  about  500  ft.  This  was  done  by  simply 
taking  the  outside  spikes  out  of  one  rail  and  shifting  it  over, 
leaving  in  the  inside  spikes  to  be  used  when  the  track  should 
be  shifted  back  again  to  narrow  gauge. 

At  another  shovel  visited,  report  No.  31,  a  registering  clock  was 
used  to  keep  the  time  of  arrival  and  departure  of  the  men. 
From  these  cards  the  payroll  was  made  up,  and  to  save  time  the 
extensions  were  made  weekly  on  the  cards  themselves;  The  time- 
keeper went  over  the  job  during  the  day  to  check  up  the  men. 
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Another  shovel  was  fitted  with  a  smajl  air  compressor  and  stank. 
The  compressor  was  located!  in  the  rear  left-hand  corner  of  the 
shovel  and  tooli  up  a  space  abo'^t  6  ft.  high  by  1  ft.  in  diam- 
eter. 

Moving  'ShoveU.  The  method  employed  for  mpving  shovels 
1096  and  1097' was  somewhat  different  from  others  that ,  had  bpen 
observed.  Two  horses  and  sixteen  men  were  used,  eight  lengths 
of  30-ft.  60-lb.  rail  and  about  one  hundred  ties,  besides  bridles, 
spikes,  etc.  The  shovel  was  moved  back  two  rail ,  lengths  at  a 
time;  the  forward  rails  and  ties  being  taken  up  and  hauled  by 
the  horses  to  the  rear,  where  the  laborers  lifted  them  into  place. 

HYDE-MCFARLIN-BURKE  COMPANY 
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Fig.  46.     Form  for  Reporting  Steam  Shovel  Work. 


Two  men  stayed  in  front  to  unbolt  as  soon  as  the  shovels  moved 
back,  two  others  took  up  the  ties  as  the  horses  hauled  away 
tlie  rails.  One  man  was  required  to  follow  the  chain  used  for 
hauling  the  ties  to  see  that  it  did  not  get  caught  in  an  obstruc- 
tion, it  being  apparently  too  heavy  to  throw  over  a  horse's  back. 
Four  men  were  kept  in  the  rear  to  lay  the  ties  as  they  came 
in,  and  the  remaining  men  went  where  instructed.  Eight  men 
were  required  to  lift  each  rail  into  place.  The  bridles  were  car- 
ried forward  by  the  men,  or  else  laid  among  the  ties  that  the 
horse  drew.  There  were  enough  extra  ties  to  svipport  tlxe  first 
rails  that  were  brought,  and  these  were  laid  while  the  shovel  was 
moving,  so  that  there  was  no  delay  wheii  the  rails  were  taken  up. 
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Standard 

Cost  of  Moving  Back  basis 

Runner  for  1.25  days  @  $5  $  6.25 

Cranenian  for  1.25  days   (d>   $3,60  .....:. 4.50 

,   Fireman  for  1.25  djiys  @ '$2.40  ..,.: ,3.00 

14  laborers  for  ri%  hr.   @  $0.15 '.;.. .: :..  28.85 

2  driVere  for  13%  hr.  @  $0.15': .'.. 4.05 

2  horses  for  1.23  days  ®  $1.50 3.69 

4  pipe  fitters  for  1.25  days  @  $2  ;  10.00 

Coiil,  .2'tons,   @  $3.50 ■..'; 7.00 

Oil  and  waste  >..■•■ ,,,.,....       1.00 

Shifting  track:         '  •  "■' , 

5  laborers  for  13%  hr.  @  $0.15  ii.>..".  10.12     , 

9  laborers  for  11  hr.   @  $0.15  14.85 

1  foreman  for  1.25  days  @  $2 2.50 

Total  cost  to  move  back  $95.31 

Total  distance  moved ...1,063  ft. 

Total  time  required , . . .  .1.25  days 

Total  number  of  employed  ' .46  * 

Cost  f>er  ft.  moved  .' .9.0  ct. 

Cost  per  ft.  per  man 0.196  ct. 

*  Includes  shifting  track;  one  horse  taken  as  equivalent  of 
four  men. 

Throwing  Track.  At  shovel  1106,  report  No.  43,  the  throwing 
of  the  loading  track  was  very  difficult  because  of  the  roughness 
of  the  material  which  was .  left  in  the  shovel  pit  and  because 
of  the  large  number  of  boulders  which  the  shovel  could  not 
handle.  Much  delay  was  caused  on  account  of  having  to  break 
up  boulders  to  permit  of  lifting  full  sections  of  track  over  them, 
and  considerable  time  was  lost  for  both  track  gang  and  shovel 


Fig.  47.     Arrangement  of  Plates  for  Holding  Rail. 

crew  by  blasting.  The  blast  itself  took  no  longer  than  usual,  but 
because  of  the  uneven  character  of  the  material  the  charge  could 
not  always  be  properly  regulated,  \yith  the  result  that  very  often 
considerable  damage  was  done  to  the  track  and  to  the  shovel  by. 
flying  material.  The  track  foreman  said. that  with  a  crew  of 
twenty  men  it  would  take  2  hours'  continuous  work  to  throw 
800  ft.  of  track..  Most  of  the  track  had  been  thrown  before  the 
shovel  moved  back.  When  the  shovel  did  move  back  over  this 
part  the  rails  were  placed  over  the  track  which  had  been  thrown. 
Moving. back  was  also  interrupted,  due  to  blasts.  The  foreman 
said  that  with  an  average  force  of  twenty-two  men  the  shovel 
could  be  moved  back  the  800  ft.  in  4  hours'  continuous  work. 
Regular  size  of  tie  fl  in.  x8  in,  were  used  under,  this  shovel  but 
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to  each  6-ft.  length  of  rail  there  was  one  8  x  10-in.  tie.  On  this^ 
tie  plates  were  fastened,  at  the  proper  distance  from  each  end, 
each  with  two, angles  attached. 

Upon  moving  up  each  time  the  6-ft.  rail  section  could  be  readily 
slipped  into  the  groove,  as  shown  in  sketch,  and  pins  slipped  into 
Tioles  to  secure  it. 

Directions  for  Moving  Shovel.  In  order  to  systematize  the 
various  operations  in  moving  a  steam  shovel  and  thus  reduce 
the  cost  to  a  minimum,  the  order  in  which  these  movements  should 
be  made  is  given. 


Diagram  of  Shovel  and  Track. 


(1)  Just  before  moving,  the  last  dipperful  will  be  taken  from  B.  As  this 
dipper  is  being  iilled,  runner  gives  one  \7histle  signal  to  the  pit  gang  (six 
men  in  pit).  Two  men  go  to  JA  and  two  to  JB,  and  one  man  goes  out  to 
F  on  the  rail  clamp  and  one  to  H  on  the-  rail  clamp. 

(2)  As  soon  as  the  dipper  has  swung  to  the  left  of  the  center  (M)  JB  is 
loose,   and  one  of  the  men  there  runs  up  the  screw. 

(3)  One  man  at  JA  puts  his  pole  over  the  jack  and  gets  ready  to  raise 
his  jack  block.    Meanwhile  the  dipper  has, dumped  at  A. 

(4)  Other  man  at  JB  now  raises  his  jack  block  and  is  ready  to  move. 

(5)  Dipper  swings  to  the  right  far  enough  past  M  to  take  the  weight  off 
of  JA,  which  is  immediately  screwed  up  and  the  block  raised. 

(6)  While  runner  is  throwing  in  his  moving  clutch,  one  man  at  F  is 
kiiocking  loose  rail  clamp,  and  one  man  from  JA  and  one  from  JB  pick 
up  the  chock  and  carry  it  forward  to  its  new  position. 

(7)  Runner  now  moves  shovel  ahead ;  H  knocks  the  clamp  loose.^  F  is 
meanwhile  putting  his  clamp  on  in  th6  new  position. 

(8)  As  soon  as  the  shovel  strikes  the  front  chock,  H  puts  his  clamp. on. 
The  bucket  is  in  the  center  position  for  this  movement. 

(9)  The  jackmen  JA  and  JB  immediately  screw  down  their  jacks,  and 
the  first  man  to  get  his  jack  down  gives  signal  to  runner,  who  takes  first 
biicketful  on  his  side.  This  enables  man  on  either  side  to  get  his  jack  well 
screwed  down  before  bucket  crpsses  center  line  again,  working  away  at  full 
speed. 

Shovel  now  works  away  even  if  a  little  out  of  level.  It  can  be  leveled  up 
by  runuer  telling  JA  or  JB  to  loosen  a  little,  the  opposite  man  screwing 
down  on  the  next  half  swing. 

Cost  of  Moving  Steam  Shovels.  In  Engineering  News,  May 
21,  190.3,  the  author  published  data  on  the  cost  of  constructing 
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part  of  the  P.,  C.  &  W.  R.  R.  in  a  mountainous  portion  of  Ohio. 
The  cost  of  moving  large  and  small  steam  shovels  was  as  fol- 
lows : 

A  65-ton  Bucyrus  shovel  was  moved  a  distance  of  1%  miles. 
One  mile  was  over  a  rough  road  and  one-half  milfe  across  a  field 
having  a  slope  of  15°.  The  work  occupied  8  days,  and  cost 
as  follows: 

Steam  shovel  crew  $160 

Foreman  at  $3.50  28 

8  men  at  $1.50  96 

1  team  at  $4  32 

Total  at  $210  per  mile $316 

This  same  shovel  was  also  moved  6  miles  in  30  days,  and  again 
%  mile  down  one  hill,  across  a  valley  to  another  hill  in  23  days, 
at  a  cost  of  about  $40  per  day. 

A  35-ton  Vulcan  traction  shovel  was  moved  over  18  miles  of 
rough  road,  the  last  mile  being  up  a  steep  hill  and  over  field. 
The  time  occupied  was  18  days,  and  the  cost  about  $35  per  day 
and  $35  per  mile. 

According  to  Mr.  C.  T.  Montague,  in  Engineering  and  Contract- 
ing, Apr.  23,  1913,  a  70-ton  Bucyrus  steam  shovel  was  moved 
24.2  miles  in  8  days  over  country  roads  and  fields  during  March 
when  the  average  temperature  was  10°  F.  The  regular  wheels 
of  the  machine  were  removed  and  replaced  with  trucks  of  the 
ordinary  house-moving  type,  consisting  of  three  units  of  four 
wheels,  each  mounted  on  false  bolsters.  The  shovel  was  drawn 
by  a  32-hp.  steam  tractor  and  a  25-hp.  tractor,  with  a  5-ton 
motor  truck  to'  help  out  on  the  starts. 

Many  deep  ravines  and  sharp  turns  were  encountered  but  no 
difficulty  was  experienced  except  from  the  scarcity  of  water. 
Only  4  laborers  were  employed.  The  cost  of  moving  was  $48  per 
mile. 

Victor  Windett  in  Proceedings  of  the  Western  Society  of  Engi- 
neers, Jan.  7,  1911,  gives  the  following:  The  cost  of  moving  a 
shovel  under  its  own  steam  on  rails  from  a  railroad-siding  to  the 
site  of  the  work  in  Chicago,  for  a  haul  of  something  over  a  mile, 
was  at  the  rate  of  6.5  ct.  per  lin..  ft. 

In  New  Orleans  a  25-ton  shovel  was  moved  13,000  ft.  at  the  rate 
of  260  ft.  per  hr.     The  work  required  5  days'  time,  as  follows:     , 

Removing  and  resetting  crane $100 

Labor,  teams,  coal  and  water  175 

Cutting  electric  wires  and  general  expense  .^ 75 

Total ;    $350 

Cost  per  lin.  ft.  to  move  2.8  ct. 
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A  team  was  used  to  drag  ahead  the  pieces  of  track  over  which 
the  shovel  had  moved. 

Cost  of  Moving  a  Shovel  by  Motor  Trucking.  Everett  N. 
Bryan  in  Engineering  Record,  Jxrne  17,  1016,  gives' the  following 
record  of  cost  of  .moving  a  60-ton  Marion  shovel  32  miles,  from 
La  Grange  to  Modesto,; Calif.  The  entire  time  was,  61  daysy  using 
a  small  crew  of  men.  This  time  could  have  been  cut  in  half  with 
a  larger  crew.  Before,  moviijg,  the  shovel  stood  in  a  pit  50  ft. 
deep.  A  road  750  ft.  long  had  to  be  graded  out  of  the  pit,  200  ft. 
of  which  was  up  an  18%  grade.  The  shovel  pulled  up  this  grade 
with  its  own  power  using  a  wire  rope  tackle.  Then  it  was  dis- 
mantled and  hauled  in  nine  loads  by  a  5-ton  motor  truck  using 
a  trailer. 

The  heaviest  of  load  was  10.5  tons,  consisting  of  the  main 
frame  with  decking  attached,  10  x  35  ft.     .       ' 

The  cost  was  as  follows :  :  , 

Dismantling  shovel   ?     71.10 

Reassembling  shovel 194.45 

Lumber  and  tool  rental  . . ; 50.00 

*'           "       "     haulage 46.40 

Breakages    20.00 

Gfrading  760  ft.  of  road  56.62 

Loading  assiBtanoe    34.94 

^             Unloading'  assistance   11.40 

Total     ....'. ?    484.91 

Moving  shovel  750  ft.  out  of  pit  218.18 

Total     $    703.09 

Moving  shovel  300  ft.  across  bridge  ..'. 37,76 

Hauling  shovel  32  miles  i 441.76 

Grand  total    ,..:-.    $1,182.61 

The  items  of  loading  and  unloading  assistance  relate,  to  wages 
paid  to  others  than  the  motor  truck  driver  and  his  helper  while 
loading  and  unloading. 

The  item  of  mbving  across  a  bridge  relates  to  hauling  some  of 
the  heavy  parts  on  wagons  by  cable  across  a  light  bridge. 

Cost  of  Railway  Worte  Engineering  and  Contracting,  May  30, 
1906,  gives  the  following: 

In  1895  considerable  steam  shovel  work  was  done  by  the  Ann 
Arbor  R.  R.  in  the  betterment  of  its  grade  and  line. 

The  railroad  was  a  single  track  line  upon  which  it  was  neces- 
sary to  keep  both  freight  and  passenger  trains  moving  without 
delay,  and  some  of  the  work  was  made  more  expensive  by  the  fact 
that  from  18  to  28  trains  per  day  had  to  be  contended  with. 
A  portion  of  the  work  was  ballasting,  the  haul  from  the  gravel 
pits  ranging  from  10  to  50  jniles..   On  grade  reductions-,  the  haul 
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ranged  from  one  to  four  miles.  The  steam  shovels  used  were 
track  shovels,  with  1%  '^^-  yd-  dipper.  Shovels  Nos.  1  and  2  were 
the  Bucyrus  steam  shovels,  and  were  new;  shovels  Nos.  3  and  4 
were  Marion  steam  shovels.  The  cost  figures  cover  the  cost  of  the 
loading,  transportingji  unloading  of  material  and  placing  it  under 
the  track,  but  make  no  allowance  for  rental  of  plant,  locomotive 
or  ears,  or  per  cent,  for  deterioration  of  planL 

The  rates  of  labor  the  season  of  1895  were  about  as  follows: 
Laborers,  $1.15  pfer  day;  track  foremen^  $C5  per  month;  work 
train  conductor,  $0.25  per  hr.;  brakemen,  $0.17%  per  hr.;  shovel 
enginemen,  $100  per  month  and  %  ct.  per  yd.  bonus  on  all  material 
moved  above  a  750  yd.'  per  day  average. 

In  sand  the  cost  ranged' from  7  to  17  ct.  per  cu.  yd.,  the  average 
being  about  10  ct.  In  clay  the  range  was  10  to  18  ct.,  the  aver- 
age being  14  ct. 

Cost  of  Railway  Grading.  In  Engineering  'News,  Dec.  31,  1903, 
D.  J.  Hauer  gives  some  data  on  steam  shovel  work,  a  portion  of 
which  we  have  abstracted. 

The  work  was  during  November,  1901,  and  was  the  best  done  in 
i:^  years  by  three  shovels  in  North  Carolina.  These '  shovels 
were  employed  in  regradirig  a  railroad  track  (see  Fig.  4ff),  the 
cut  being  1,200  ft.  long.  The  earth  to  the  right  of  the  old  track 
was  first  excavated  to  the  grade  of  that  track,  the  shovel  loading 


'Pig.  49.     Cross-Section  of  Railway  Cutting. 

into  cars  on  the  old  track.  The  solid  rock  made  progress  slow, 
29,800  cu,  yd.  of  earth  and  1,200  cu.  yd.  of  rock  being  excavated 
between  Sept.  5  and  Oct.  31,  working  day  shifts' olily,  except 
during  the  last  week  when  two  night  shifts  were  worked.  During 
November,  day  and  night  shifts  of  12  hr.  eaph  were  worked,  the 
shovel  excavating  at  the  left  of  the  main  track  and  using  the  old 
track  as  a  loading  track. 

The  material. could  be. classed  as  average  earth,  being  red  clay 
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and  mica.  The  bank  was  shot  with  powder.  The  width  of 
shovel  cut  from  center  of  loading  track  at  the  widest  point  was 
51  ft.;  the  minimum  width  was  35  ft.  The  height  of  the  breast 
was  40  ft. 

The  shovel  used  was  a  65-ton  Bucyrus,  equipped  with  a  2:^-yd. 
dipper.  A  dynamo  furnished  current  for  electric  light  for  night 
work  at  times.  The  boiler  also  furnished  steam  for  a  3%-in. 
rock  drill  and  a  4-in.  steam  siphon  and  1^-in.  jet  for  pumping. 
Gasoline  lamps  were  used  on  the  dumps.  The  shovel  had  a 
clear  lift  of  17  ft.,  cut  27  ft.  from  its  center  and  dumped  24  ft. 

Two  trains  of  15  cars  each,  drawn  by  16-in.  cylinder  locomotijres 
served  the  shovel.  The  cars  used  were  Kilbourne  &  Jacobs,  6-yd., 
two-way,  dump  cars;  six  cars  in  each  train  being  equipped  with 
brakes.  The  cars  were  of  6  cu.  yd.  water  measure  capacity^  the 
actual  contents  as  measured  in  place  being  5  cu.  yd. 

The  dumping  gangs  consisted  of  1  foreman  and  20  men  on  one 
dump  1  mile  distant,  and  l^foreman  and  12  laborers  on  a  tem- 
porary trestle  dump  2i6  miles  distant  in  the  other  direction.  The 
former  dump  was  used  only  during  the  day  time  and  the  latter 
day  and  night.  A  temporary  trestle  was  constructed  with  bents 
at  14jft.  centers.  The  mud  blocks,  sills,  posts  and  caps  were  of 
round  timber,  the  braces  of  3  x  8-in.  s^wed  pine,  and  the  stringers 
of  10xl2-in.  sawed  pine.  The  stringers  were  used  again.  This 
trestle  cost  2  ct.  per  cu.  yd.  of  embankment. 

Some  delay  was  caused  by  the  necessity  of  clearing  the  loading 
track  for  20  to  30  regular  trains  per  day.  Mr.  Hauer  estimated 
that  fully  40%  more  work  could  have  been  done  had  the  track 
been  clear  at  all  times. 

The  cost  Of  the  plant  used  was  about  $27,000.  The  total  yard- 
age moved  during  the  month  was  56,120  cu.  yd.;  the  daily  average 
was  2,160,  or  1,080  cu.  yd.  per  shift.  The  cost  of  the  work  during 
November  was  $7,070  or  12.6  ct.  per  cu.  yd.  exclusive  of  interest 
and  depreciation.  The  cost  of  moving  31,000  cu.  yd.  during 
September  and  October  was  $7,000,  or  22.6  ct.  per  cu.  yd. 

The  rails,  ties,  switches,  and  track  fastenings  were  furnished 
to  the  contractor  by  the  railroad  company,  the  parts  lost  and  con- 
sumed being  paid  for  at  market  prices. 

The  cost  per  month  was  as  follows: 

1  engineer  in  cliarge  j    150 

1  bookkeeper'    65 

2  clerks     T !  85 

2  telegraph  operators  board    30 

1  watchman     35 

2  cooks  and  2  helpers 185 

1  superintendent     140 

1  night  superintendent  90 

Total  general   $   76O 
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2  shovel   enginemen    $   280 

2  oranemen    180 

2  shovel  firemen  at  ^2.25  per  day  59 

4  pitmen  at  J1.25   130 

6  pitmen   at  $1    166 

4  blasters  at  t4.25    Ill 

120  kegs  of  black  powder  at  $1.25  150 

Dynamite,  exploders,  etc 65 

Total  loading  force  $1,131 

4  locomotive  enginemen $    360 

4  firemen     160 

4  conductors    300 

8  flagmen  at  208 

'    1  switchman  at  $1  26 

1  car  oiler  at  $1  26 

Total  handling  forces   $1,080 

1  inspector    $     40 

1  day  dump  foreman  at  $3  , 78 

20  day  dum^  laborers  at  $1  520 

1  day .  and  ni^ht  dump  foreman  at  $3  130 

24  day  and  night  dump  laborers  at  $1  624 

Total  dumping  forces   $1,392 

1  fireman  at  $3 $     78 

10  laborers  at  $1 260 

Total  track  force  $    338 

1  foreman  at  $2   $     52 

10  laborers  at  $1  260 

1  blacksmith  at  $3   78 

1  blacksmith  helper  at  $1.25   32 

3  bays  at  75  ct 59 

Total  miscellaneous  force $   481 

Oil,  gear  shield,  waste,  packing  $    110 

Torpedoes,  fuses,   etc 13 

262  tons  coal  at  $3.25  "...:...., 851 

Repairs  to  shovel,  engines,  and  cars 285 

Trestle  (36,000  cu.  yd.  at  1%  ct.) 630 

Grand  total,  56,120  cu.  yd.  at  12.6  ct $7,071 

Cost  of  Pilling  a  Trestle.  Engineering  amd  Gontractm'g,  May 
9,  1906,  gives  the  following: 

Henry  H.  Carter  gives  costs  of  steam  shovel  work,  begun 
March  13,  1884,  near  Boston.  The  material  excavated  was  fine 
gravel  and  sand  which  was  used  to  fill  in  a  trestle  1,700  ft.  long 
across  a  lake.  The  cost  of  the  trestle  is  not  included  in  the 
following  record,  but  the  cost  of  laying  track  to  the  trestle  and 
of  laying  a  double  track  on  the  ties  already  on  the  trestle  is 
included. 

All  told  there  were  6,700  ft.  of  single  track,  laid"  with  3.5-lb. 
rails.  The  gravel  pit  was  located  3,700  ft.  from  the  middle  of 
the  trestle/  making  the  haul  average  %  riile. 
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The  gravel  was  measured  in  the  pit  before  loading,' aiid  the 
total  amount  moved  was  .59,010  cu.  yd.  It  was  found  that  1 
cu.  yd.,  measured  in  the  cut,  or  pit,  made  1.16  cu.  yd.'measured 
in  the  cars.  , 

The  contractor's  plant  consisted  of  a  steam  shovel,  t*o  loco- 
motives, 14  dump  cars,  each  holding  2%  cu.  yd.  car  measure,  and- 
16  dump  cars  holding  1.85  eu.  yd.  each.  For  a  time  a  small 
shovel  was  used,  and  its  average  output  was  300  cu.  yd.  a  day, 
including  the  days  consumed  in  setting  up  and  shifting  plant. 
However,  most  of.  the  work  was  done  with  a  large  shovel  which 
averaged  582  cu.  yd.  per  day,  including- setting  up  and  shifting 
time. 

Ct.  per 
Loading  ($4,521,  or  7.6  ct.  per  cu.  yd.)  cu.  yd. 

Foreman,  100  days   @  $4 ':■ 0.7 

Engineman,  122  days  ■©  $4- . .-. ' -...:...  0.8 

Craneman,  122  days  @  $3,50 0.7 

Fireman,  123  days  @  $1.75.  :;...... 0.3 

Laborers,  574  days  @  $1.50  1.5 

Bent  of  small  shovel,  51  days  @  $9  0.8 

Rent  of  large  shovel,  75  days  @  $13  ....'. 1.6 

Repairs  on  small  "shovel  0.2 

75  tons  of  coal  for  shovels  @  $6 0.8 

Oil  and  waste  for  shovels  ..; 0.2 

■Hauling  ($3,639,  or  6,2  ct.  per  cu.  yd.) 

Foreman,  10  day's  at  $4  0.1 

Engine  drivers;  229  days  '  &  $2.50  10 

firemen,  216  days  @"  $1.75 ' ; . . ; ;  ■.  0.6 

Brakeman,  105  days  @  $l-.50 ; ,.:.....  0.3 

Icecutter.  15  days  @  $1;50  '. 0.0 

Rent  of  2  locofliotives  and  trains,  235  days  @  $7 2  8 

120  tons  of  coal  @  $6  , 1.2 

Oil  and  waste' ::.:.:..;...: ...' ^  0.2 

Trackwork  ($1,492,  or  2.5  ct.  per  cu.  yd.. 

foreman,  10  days   @   $4  0.1 

Foreman,  95  days   @  J2 ; 0.3 

Blacksmitli,  126  days   @  $2 0  4 

Laborers,   638  days   @   $1.50  1.6 

Loss   of  tools    0.1 

Dumping  ($799,  or  1.3  ct.  per  cu.  yd.) 

Foreman,  32  days   @  $2  v 0.1 

Laborers,   490  days   @   $1.50   1.2 

'    Miscellaneous  ($3,420,  or  5.8  ct.  per  cu.  yd.) 

Superintendent,  60  days   @  $6 0  6 

,     Foreman;  12  days  @  $4  ^ ',",'  o  1  ■ 

Engineiiian,  10  days  @  '$4  [  01; 

Craneman,  10  days  at  $4 i.'        ""  oi 

Blacksmith,  128  days  @  $2.50  ; o's 

Laborers;  105  days  @  $1.50  !.!!!!!!!!!  02 

5  tons  of  o.oal  @  $6  ]..  o.O 

Blacksmith  sbop  . . . . ;  i ;."'!!!'.  o's 

Transportation  of  plant  !...!!!..,.".  2.6 

Loss  offtqols  and  interest  on  value ..."!?,!.  ois     - 

Loss  on  rails,  ties,  etc '.,;...  08 

''Blacksmith   supplies   ■ j !,.,.!!..  o!3 

Grand  total 23.4 
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Summarizing,    we    have:  Ct.  per 

ou.  yd. 

Labor,    loading ;. 4.0 

Rental  of  shovels,  and  repairs  : 2.6 

Coal,  %  ton  per  day  per  shovel  0.8 

Oil  and  waste  for  shovels  0.2 

Labor,    hauling 2.0 

Bental  of  locomotives  and  train  2.8 

Coal,  (%  ton  per  day  per  locomotive)   1.2 

Oil  and  waste  for  locomotives  0.2 

Labor,  tracklaying,  1%  miles   2.5 

Labor,   dumping 1.3 

Labor,  installing  shovels,  etc 0.5 

Blacksmithing ' 0.5 

Blacksmith    shop 0.'2 

Blacksmith  supplies    0.3 

Transportation  of~plant 2.6 

Depreciation  of  small'  tools,  rails  and  ties  1.1 

General   superintendence    ( 0.6 

Total    .; 23.4 

Cost  on  Bailway  Construction.  S.  T.  Neely,  Assistant  Engi- 
neer, Southern  Ey.,  in  Enyineerng  'News,  Aug.  9,  1906,  gives  the 
cost  of  grade  reduction  work  as  follows : 

Cost  of  Equipment: 

165-ton  shovel   $10,000 

3  engines  at  $2,200 6,600 

20-12-yd.    dump    cars    14,000 

1  Jordan  spreader  2,400 

Extra  ^arts   1,000 

Tools  (jacks,  shovels,  bars,  etc.)   1,000 

Total $35,000 

Annual  Charges: 

,   Interest  at  6%   ,, $2,100 

Eenewals  in  5  years  ........; 7,000 

Total  per  year ; : $  9,1Q0, 

Total  per  day $       25 

Daily  Operating  Cost  per  Working  Day: 

2  foremen  at  $3.75  ....;. $    7.50 

2  timekeepers  at  $2.35 4.70     - 

1  shovelman  at,$5_.... .* ■    ^.00. 

1  craneman  at  $2.5t) ' .'. .  1 '        2.50 

1  fireman  at  $2.25   2.25 

1  watchman   at  $2.25 ■.. 2.25 

6  pitmen  at  $2  12.00 

30  dump  track  raises  at  $1.75  52.50 

13  track  men  at  $1.75  22.75 

3  locomotive  men  at  $3.50  10.50 

3  firemen  at  $2   6.00 

3  brakemen   at  $2,50    7.50 

1  conductor   at  $4    4.00 

3  flagmen  at  $2 ,..., , ,  ,,;i  6.00. 

1  car  repairer  at  $2 2.00 

1  blacksmith  at  $3:50 3.50; 

1  blacksmith  helper  at  $2  , 2.00 

1  .superintendent  at  $5    5.00 

1  telegraph  operator  at  $2   ..-..;.  2.00 

Total  daily  pay  roU   $159.95 


/ 
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Interest  and  renewal   ' ?  ?^'nn 

•'  2  tons  coal  for  3  engines  at  |2  12.00 

2l  tons  coal  for  shovel  at  ?2  4-00 

Waste  and  oil  at  75  ct.  per  machine  300 

- 10,000  gal.  water  at  50  ct.  per  1,000  gal 5.O0 

Total  fuel  and  water    , |,„o'S2 

Total  per  working  day  1209.00 

Non-Working  Day  Expense: 

2  foremen  at  ?3.75  i  7.50 

2  timekeepers  at  $2.35   4.70 

1  shovel  engineer  at  $5   5.00 

1  craneman  at  $2,50   2.50 

1  fireman  at  $2.25 2.25 

1  watchman  at  $2.25  2.25 

3  locomotive  engineers  at  $3.50  10.50 

3  firemen  at  $2    6.00 

1  conductor  at  $4  4.00 

1  superintendent  at  $5   ., .- 5.00 

1  telegraph  operator  at  $2   2.00 

Labor  of  ditching,  etc.,  20  hr.  at  0.175  3.50 

$56.20 

Interest  and  renewals    25.00 

Fuel  and  oil  for  1  engine 5.00 

Total  non-working  day  expense   $86.20 

Cost  per  month: 

20  working  days  $4,180 

10  non-working  days   862 

Total  per  month   $5,042 

The  average  haul  was  12,000  ft.  Two  trains  of  ten  12-yd. 
cars  were  hauled  by  two  locomotives,  the  third  locomotive  being 
employed  in  pulling  the  spreader,  getting  water  for  the  shovel, 
switching,  etc. 

Loading  consumed  35  min.  for  10  cars  loaded  by  6  or  7  dipper- 
fuls  each,  and  dumping  and  latching  occupied  5  min.,  giving  a 
running  time  to  the  dump  and  return  of  15  min.  Due  to  de- 
lays only  140  cars  or  1,540  cu.  yd.  were  loaded  per  day,  giving 
a  monthly  output  of  30,800  cu.  yd.  A  car  held  11  cu.  yd.  place 
measure. 

The  total  cost  of  the  work  was  as  follows: 

Per  cu.  yd. 

Excavation    3.6  ct. 

Hauling    6.7  ct! 

Dumping  and  raising  track   4  7  ct. 

Spreading 1.4  ct. 

Total     16.4  ct. 

Steam  Shovel  Work  on  Grade  Reduction.  Cost  data  on  steam 
shovel  work  in  grade  reduction  are  given  by  John  C.  Sesser  in 
Engineering  and  Contracting,  Jan.  2,  1907.  The  work  was  done 
during  the  season  of  1906,  by  company  forces  and  equipment. 
The  two  pieces  of  wofk  for  which  costs  are  given  were  the  Big 
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Shoal  Cut  Off  and  the  Little  Shoal  Cut  Off,  both  located  on  the 
Beardstown  to  Centralia  Division  of  the  C,  B.  &  Q.  Ry.^ 

The  Big  Shoal  Cut  Off  was  a  change  of  alinement  and  grades 
between  Sorento  and  Reno,  111.  On  this  cut  off  there  were 
318,711  cu.  yd.  of  earth  to  be  moved,  of  which  251,711  cu.  yd. 
were  steam  shove!  work. 

On  this  work  two  temporary  trestles  were  built,  having  a  total 
length  of  2,961  ft.  and  an  average  height  of  40  ft.  The  material 
for  the  embankment  was  hauled  from  the  north,  fin  average  dis- 
tance of  1%  miles.  The  average  depth  of  cut  was  15  ft.  The 
material  handled  was  wet  clay.  On  account  of  numerous  springs 
encountered,  both  material  and  steam-shovel  pit  were  very  wet, 
which  delayed  this  work  to  some  extent.  At  times  the  clay  would 
leave  the  dipper  in  chunks  as  large  as  the  dipper  itself.  This 
made  the  dumping  of  cars  from  the  high  trestle  rather  dangerous 
and  Necessitated  the  locking  of  the  cars  to  the  trestle  before  they 
were  dtimped. 

The  work  being  entirely  separated  from  the  main  line,  bunk 
houses  were  built  for  the  men  employed.  Board  was  furnished 
the  men  for  $3.75  per  week  by  the  boarding  contractor. 

Water  was  supplied  to  the  shovel  by  a  2-in.  pipe  line,  laid  on 
the  ground  outside  of  the  digging  line.  At  every  hundred  feet 
this  pipe  line  had  a  "  T  "  with  a  tap,  and  by  means  of  a  long  rub- 
ber hose  water  could  be  supplied  the  shovel  at  all  times,  thus 
avoiding  the  usual  delay  of  siphoning  water  which,  in  double- 
shift  work,  is  an  item  worth  consideration.  This  pipe  line  was 
also  extended  to  the  cook  and  bunk  houses,  thus  supplying  water 
for  cooking  and  washing  purposes. 

The  temporary  trestle  built  was  designed  to  carry  a  loaded 
train  of  5-yd.  dump  cars  before  being  filled,  and  the  engine  in 
service  only  after  the  trestle  had  been  filled.  .  Each  bent  con- 
sisted of  two  piles,  bracing  ancl  cap.  Second-hand  material  was, 
used  throughout,  with  the  exception  of  the  bracing.  Two  8  x 
16-in.  stringers  were  used  per  span,  which  were  built  13  ft.  The 
stringers  were  recovered,  the  balance  of  the  material  buried  in  the 
embankment. 

The  equipment  used  on  the  Big  Shoal  Cut  Off  work  consisted 
of  the  following:  One  G5-ton  Bucyrus  steam  shovel;  2  switch 
engines  (Class  E) ,  weight  on  drivers,  30  tons;  43  5-yd.  dump 
cars,  and  I  Jordan  spreader-.  All  of  the  equipment  except  the 
Jordan  spreader  was  second-hand.  The  second-hand  value  of  this 
equipment  was  as  follows: 

Value 

Shovel     $5,000 

Engines     MOO 

Dump   cars    Jt052 

Spreader    1.800 
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The  Little  Shoal  Cut  Off  work  was  a  change  of  alinement  andf 
grades  between  Ayers  and  Durley,  111.,  the  work ,  necessitating,: 
the  handling  of  188,240  cu.  yd.  of  niaterial:  The  material  handled 
was  about  .40%  hard  pan,  it  being  about  as  hard  a  material  as  the 
shovel  could  dig  without  resorting  to  blasting.  The,  pit  was  wet. 
The  material  was  hauled  an  average  distance  of  %  mile  and  was 
dumped  from  a  temporary  trestle  constructed  for  that  purpose. 
This  trestle  had  a  total  length  of  2,142  ft.  and  an  average  height 
of  i  35  ft.  On:  this  work  both  shovel  and  engines  were  handled 
over  6%  grades  and  16°  curves  very  easily. 

The  equipment  used  in  the  Little  Shoal, Cut  Off  work,  was  as  fol- 
lows: ■  ;■-,,,.,,,:;..,.,  '  ,      ,.  ,. 

One  second-hand  65-ton  Bucyrusi  steam  shovel,  2  second-hand 
switch  engines  (Class  E),  weight  on  drivers,  30  tons;  36  second- 
hand 5-yd.  dump  cars;  1  new  Jordan  flpreader.  The  second-hand 
value  of  this  equipment  was  as  follows: 

•  Vralue 

Shovel ,. $5,000 

Engines     , 4,400 

Duinp   cars    .'. ■.';'.'.'.'..;./'.' ' 4,230     ' 

Spreader xi.i. ". 1,800 

,  It  is  interesting  to  note  th?,  cost  per  yard  in  place  was  the 
same  on  .both  .jobs.  While  the/equipment  and  drganiz^tiou  were,; 
in  a  way,  about  the  same  at  both  places,  the  material  handled 
and  the  general  layout  of  the  work  were  very  different.  The 
organization  of  tji?  working  forces  were  the  same  in  both  cases, 
the  following  bein^  the  forces-engaged  on.  the  Big  Shoal  work:  '. 

Day  Shift:  Per  month 

1  general  loremsin    .....; ' $118.50 

1  steam  shovel  engineman   , ■. . .  135.00 

1  steam  shovel  craneman 90.00 

1  steam  shovel  fireinan i.. .■;'....; .; -  55.00 

6  stean\  shovel  pitmen,  19  ct.  per  lu-.     . , 

1  ..conductor    .....I.... lOS.SO 

2  brakemen    ; /. .  ..^ '. 69.00 

2  enginemen,  $4,  per  day. 

2  firemen^  $2.40  per  day. 

1  track  foreman :...;.' i 75.00 

1  assistant  foreman,  10  ct.  per  hr. 
10  laborers  dumping  cars,  16  ct.  per  hr. 
88  laborers  on  track,'  at  16  ct.  per  hr. 

..    1  watchman    ..j..,,., -45.00     . 

1  fimeteeper    ....... 45.00     ' 

■■'  '■  '   1-lp^mperi    ;.... ...'..... 45.00    ■■  . 

.'.'      ■■'  •"',"  '"','  '        '■  ■    Njght  Shiti:  ' 

■     .'1  steatn  snbvcil  engineman  .  $125.00* 

1  steam  shovel  craneman   90.00  ■ 

1  steam   shovel   fireman    55!00    '; 

6  steam  shovel  pitmen,  20  ct.  per  hour. 

1  conductor    103.50 

2  brakemen 69.00 

2  enginemen,  $4  per  day. 
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2  firemen,  $2.40  per  day. 
1  assistant  .track  ioreoian    . 
8  laborers,  $1.75.  ,]Kr  day. 
1  watchman,  $1.7.5  per  day, 
1  lightman,  $1.75  per  day. 
1  pumper , 


Cost  per  Day : 
Generah  foreman    . ....!.. .'.'.    $  "2.28 


Steam  ^shovel  service'  

iiBngine  seiivipe  ...i,.,.,t , 

Qar  repairing   ....'...' 

Du'm))iiig   cars    '. i 

Ti'ack ;  fo^'ema^Q.  ,....,-■ 

Assistant  track  foreman  

Track  work    

Timekeeper      .,..,...., 

_  Pumper     .' i.. 

'  "Watchman  ' ...'.; 


22,09. 

.22.08 

'4140 

I  moo 

2.88 

2;ii 

62.70 
1.73. . 

1:73 

1.60 


Total     .,.. $142.60 

Cost  per  Night: 

Labor 

Bteam  shovel  service $  22.69 

~      ■  ■      ' 22.08 

2.11 

14.00  . 

1.75 

1.73 

1.75 


Supplies 

$  siso 

.     9.00 


.65 


$55.00 


45.00 


Total 

$ '  2.28 

27.59. 

31.08- 

■  4.40 

19.00; 

2.88 

2.11=. 

62.70 

1.73 

/  2.38 

1.60 


$15.15 ,      $157.75 


Engine  service  '. 
Assistant  foreman 
Dumping   cars    . . . . 

Lighting    

Pumping     

Watching  ' 


Supplies 
$  5.50 
9.00 


2.34 
.70 


Total 
$  28.19 
31,08 
2.11 
14.00  . 
4.09 
.  2.43 
1.75 


5.11       $17.54       $  83.65 


-         Total     

Total  day  and  night  ...........    $208.71       $32.69       $241.40 

The  prices  at  which  supplies  were  bought  were  as  follows: 
Valve  oil,  50  ct.  per  gal.;  black  oil,  18  ct.  per  gal.;  signal  oil,  34 
et.  per  gal.;  kerosene,  10  ct.  per~gal. ;  gasoline,  17  ct.  ^er  gal.; 
shovel  and  engine  coal,  $1.48  per  ton  on  Little  Shoal  Cut  Off 
work,  $1.50  on  Big  Shoal  Cut  Off;  waste,  6  ct.  per  lb.        ' 

For  the  sake  of  comparison  of  the  two  jobs  Mr.  Sesser'a  figures 
are  arranged  as  follows:  . 

.    .        Big  shoal 
cut  ofE^ 

Date  shovel  commenced  work  ..........^ Apl.  27 

Date  shovel  comptbted  woi*k  ■.,.■.■:..,■:.■.-.....■ Nov.  2 

Date  shovel  commenced  night  shift  •..:...■..■ June  20 

Date  shovel  completed  flight  shift  Oct.  26 

Days  steam  shovel  on'woVk". :: i 190 

Nights  steam  shovel  on  work 129 

Days  worked  by'  'steam  shov6l  '....;..;.; 140 

Nights  worked  by  steam  shovel  88 

Total    days    worked    by    steam    shovel'  (10-hr.    shift 

JJalled  a  day)  ; ? 228 

Shavel  laid  up  due  to  r/iin  , and  Sundays  (shifts)..,.  57 

Shovel  delayed,  moving  and  shovel .  failure  (shifts) . . ,  23 

Waiting  for  grading  of  temporary  track  (shifts) 11 

Percfentage  of  199  days  of- shovel  service  delayed , 

Total  car  output,  day-shift  ,,.,,..,,,.,.,    .47,682 


Little,  shoal 

cut.  off.  , 

May  21 

Sept.  30 

May  22 

Sept.  30 

133 

132 

96 

103 

199 


2?,774 
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Big- shoal     Little  shoal 
cut  off   ^      cut  off 

Total  car  output,  night  shift  27,377  23,116 

Cubic  yards  handled,  day  shift 160,121  105,818 

Cubic  yards  handled,  night  shift  ^ .      91,590  82,422 

Cubic  yards  per  car   3;35  3.56 

Cubic  yards  per  day  (10-hr.  shift)   1,104  946 

Percentage  of  night  shift  output  to  day  shift  output        84%  78% 

The  cost  of  the  work  is  shown  in  the  following  tabulations,  all 
yardage  being  cross-section  measurements. 

The  progress  of  the  work  in  the  Big  Shoal  Cut  Off  from  May  to 
Oct.,  inclusive  was  251,711  cu.  yd.  On  the  LittW  Shoal  Cut  Off 
188,240  cu.  yd.  were  moved  from  May  to  Sept.  inclusive. 

COST  OF  STEAM  SHOVEL  WORK 

Big  Bl)oal  . :  Little  shoal 

Equipment:                                                                cutoff  cutofE 

Steam  shovel,  depreciation  at  10%  i     500  f     500 

Engines,  depreciation  at  5%  . . , 200  220 

Dump  cars,  depreciation  at  10%  505  423 

Spreader,  depreciation  at  5%  90  90 

Total    .' $  1,315  %  1,233 

Cost  per  cu.  yd 0.005  0.006 

Bunk  Houses; 

Material  {     757  |     757 

Labor    ....; 388  310 


Total    i  1,145  f  1,067 

Cost  per  cu.  yd 0.004  0.005 

Water  Supply : 

Material  J     191  f     311 

Labor 81  300 


Total    $ 272 

Cost  per  cu.  yd 0.001 

Shovel  Work,  Labor: 

Shovel  service    $6,228        ,         $5  360 

Engine  service  6,417                     5  303 

Car  repairs  and  blacksmithing  771                       '5I4 

Lighting     ;... 185                        203 

Dumping   cars    .; 4,265                     3,149 


Total    $17,867  $14,529 

Cost  per  cu.  yd 0.071                     0.077 

Shovel  Engine  and  Car  Supplies: 

J?l™  0"  $     184  $       84 

Black  oil  90                        lOg 

Signal  oil   17                          25 

Kerosene     '..V.'.'.'.  95                        366 

Gasoline   ..... 128                        146 

Coal  for  shovel  1539                    1529 
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Big  shoal  Little  shoal 

cut  oif  cut  off 

Coal  for  engines  1,982  1,200 

Waste    48  48 

Total $  4,483  $  3,607 

Cost  per  cu.  yd 0.018  0.019 

Temporary  trestle    $_?!M8*  |  3,853* 

Cost  per  cu.  yd "      0.636  0.031 

Track  work J12,438t  %JSVJ^ 

Cost  per  cu.  yd 0.060  0.042 

Supervision  and  engineering   % 610  |     487. 

Cost  per  cu.  yd. 0002  0^03 

Grand  total $47,140  ?35,205 

Total  cost  per  cu.  yd 0.187  0.187 

*  Cost  per  lineal  foot  on  Big  Shoal  work:  Labor,  $1.30;  material,  $1.74; 
total,  $3.04.  On  Little  Shoal  work  cost  per  lineal  foot  was:  Labor,  $1.22; 
material,  $1.61;  total,  $2.73. 

t  On  Big  Shoal  work,  labor  cost  was  $11,682,  and  value  of  track  supplies, 
$7,339;  depreciation  on  latter  and  actual  cost  amounted  to  $8,856,  making  total 
cost  of  track  work,  $12,238.  On  the  Little  Shoal  work,  the  labor  cost  was 
$6,673,  and  value  of  track  supplies,  $6,480 ;  depreciation  and  actual  cost  on 
latter  amounted -to  $1,144,  making  total  eost  track  work,  $7,817. 

Mr.  Sesser  states  that  the  limits  to  which  a  shovel  will  work  is 
a  most  important  consideration  in  planning  and  estimating  work 
of  this  kind.  It  is  not  economy  to  Work  the  shovel  to  its  ex- 
treme limit  in  lift  and  reach.  The  shovel  on  this  work  at  times 
loaded  the  5-yd.  cars  on  a  loading  track  9  ft.  higher  than  the 
shovel  track,  with  the  track  centers  22  ft.  Loading  at  such 
height  is  very  slow  work  and  is  liable  to  wreck  the  cars  badly 
on  account  of  the  lack  of  clearance  for  the  dipper  after  emptying. 
When  there  is  more  than  one  cut  to  be  ;made  and  where  time  is 
the  all  important  factor,  7  ft.  difference  in  elevation  between 
the  shovel  and  loading  tracks  allows  rapid  work  and  gives  better 
results. 

In  laying  out  steam  shovel  work  considerable  can  be  saved 
at  times  by  taking  advantage  of  the  natural  conditions  of  the 
work  as  they  exist.  The  track  arrangement  and  the  future 
track  arrangements  as  the  work  progresses  ,  are  oftentimes  ne- 
glected, causing  serious  delays  to  the  shovel.  On  few  jobs  has 
the  writer  seen  the  shovels  work  to  their  capacity,  on  account 
of  poor  track  arrangement  and  the  consequent  inability  to  keep 
the  cars  to  the  shovel..  One  must  have  good  running  track  over 
the  entire  work. 

Shovel  Work  at  Belle  Tourche  Dam.  The  following  was  pub- 
lished in  Engineering  and  Oontractmg,  JVIarch  18,  1908,  and  in 
Engineering  News,  April  2,  1908.  It  refers  to  the  cost. of  work 
on  the  embankment  of  a  dam  built  under  contract  for  the  United 
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States  Reclamation  Service  in  South  Dakota.  This  contract  was 
suspended  in  January,  1908. 

^he  material  of  which  the  dam  was  constructed  was  a  heayy 
adobe  clay  with  occasional  layers  of  shale.  This  material  was 
excavated  by  steam  shovels  diiiiipihg  into  cars  hauled  by  dinkeys, 
and  Ellso  with  elevating  graders  dumping  into  wa/goits.  ,{ For  the 
cost  of  work  done  by  the  graders  see  Chap.  IX.)  The  material 
was  dumped,  spread  and  rolled  in  6-in.  layers,  all  stones  exceed- 
ing 6-in.  in  diameter  being  renioved  before  rolling.  The  total 
volume  of  the  dam  is  li600,000  cu.  yd.  and  during  1906^7' 
about  32%  of  this  amount  vpaS  placed. 

'During  1906  a  75-ton,  2%-cu.  yd.  dipper,  steam  shovel  was  em- 
ployed, and  during  1907  two  of  these  shovels  were  used.  The 
material  was  hauled  in  trains  of  10  Western,  4-cu.  yd.  dump  cars 
by  IS^ton  Davenport  dinkeys.  The  average  haul  during  1906iwas 
1  milej  up  a  2%  maximum  grade,  and  during  1907,  1  mile  down  a 
maximum  4%  grade. 

Material  was  spread  in  6-in.  layers  by  4-horse  buck  scrapers  and 
leveled  -by  a  6-horse  road  leveler.  The  tracks  were  laid  so  that 
the  earth  was  spread  to  »  distance  of  50  ft.  from  them,  and  then 
were  shifted,  10  ft.  after,  the  completion  of  every  third  layer. 
Sprinkling  was  dpfle  by  means  of  a  hose  attached  to  iron  pipes 
in,  turn  connected  to  a  pump.  '  The  rolling  was  performed  by  a 
32-lip.,  ,  21-ton,  traction  engine,  and  a  12-ton  road-roller.  The 
t.ractJOJti  engine; was  very  efficient. 

<:;ommon  lafepr  was,  paid  $2.25  to  $2.50  and  horses  $1.16l  per  day 
of  10  hr.  Coal  cost  $10.50  per  ton  delivered.  The  cost  is  given 
below,  and  the  labor  account  includes  the  railroad  fare  of  em- 
ployes,- lighting,  heating,  superintendence,  engineer,  bookkeeper, 
timekeeper,  .blaclismith,  machinist,  clerk  and  building  rental. 
These  items  amount  to  about  3.3  ct.  per  cu.  yd.  The  charge  for 
depreciation  and  repairs 'is  based  upon  the  estimated  salvage  of 
machinery  and  equipment.  The  supply  account  includes  coal,  oil, 
power,  e|te.  The  cost  pt  sinking  the  artesian  wells,  each  1,430 
ft.  deep,  and  of  obtaining  suitable  water  for  boiler  use  has  been 
d,istribiited  in  the  itemized  costs.      ,  .     ' 

,  Cost  of  Steajtn  Shovel  Work  on  Belle  Fourche  Dam  Embank- 
ment, for,  1906  and  1907.  (Yardage  for  both  years  was  305,000 
cu.  yd.  The  daily  average  per  shovel  was  951  cu.  yii.  per  day  of 
10  hr.)  ,  ', 

Excavation :  Total          Cost  per  cu.  yd. 

'    '               Labor  •■1..1 l..;iv'i.. . .  $14,215i01'  '     ■:      .^0.047'  '*> 

■  ,  , '      I)epreciatioii  and  repairs 8,892.81                   0.029 

Supplies ;•..... 8,189.94                   0.027 

Total ,    131,2^7.76  $0,103     , 
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Hauling-:   .  j ,    , ,  - , . 

Labor $11,228.17  J0.037 

Depreciation   and   repairs    9,285.76  0.030 

Supplies    i .'. .;  10,738.00  '          0.035 

Total $31,251.93  $0,102 

Main  Track : 

Labor     ( $3,633.29  $0,012 

Depreciation  and  repairs  3,991.96  0.013 

Total     $7,625.25  $0,025 

Boiling ; 

•Labor ,$1,891.63  $0,006 

Depreciation   and  repairs    1,361.03  0.OO4 

Supplies    .1...... '..        2,176.06'  0.007 

Total     I.    $5,428.72  $0,017 

Watering : 

•••    Labor     ,.: ^ $4,143.20  ,.     $0,014  ■ 

Depreciation   and  repairs    3,611.69                '  0.012 

Supplies 1,243.43                   0.004 

Total     ..:.., $8,998.32  $0,030 

Grand  totals: 

Labor    , > $71,163.44  $0,234 

Depreciation  and  repairs   27,827.08  0.09O 

'   Supplies 22,347.48  0.073 

Total .' $121,337.95  $0,397 

Cost  of  Railway  Work.     Engineering  and  Contracting,  Aug.  5, 

1908,  describes  work  that  was  done  in  the  south  on  the  exeava- 

'  tion  of  a  railroad.     It  comprises  a  month's  work  during  the  fall 

of  the  year,  when  the  weather  conditions  were  fairly  good,  there 

being  only  occasional  rain  storms: 

Description  of  Work.  The  work  consisted  of  widening  one  side 
of  a  cut,  the  average :  height  of  the  excavation  being  about  40  ft.  - 
The  water  in  the  side  ditch  of  the  cut  was  turned  by  boxes  under 
the  track  into  the  ditch  on  the  other  side,  making  the  work  dry. 
The  extra  width  given  to  the  cut  varied  from  17  to  21  ft.,  and 
this  distance  would  not  allow  of  the  regular  jack  arms  being 
used  on  the  shovel  at  all  times.  When  this  was  not  possible^  a 
spefeial  short  jack  arm  was  used  on  one  side  of  the  shovel,  giving 
2  ft.  additional  clearance.  Short  jack  arms  are  valuable  for  such 
purposes,  but  the  stability  of  the  shovel  '  is  greatly  reduced  by 
their  use. 

The  railroad  company  operated  its  trains-  through  the  cut 
while  the  wotk  was  going  on.  In  all  there  were  about  30  trains 
a  day  on  one  track.  Four  of  these  trains  were  for  passenger 
service  and  two  were  carded  freights.  These  six  trains  had  to 
be  cleared  by  the  contractor's  dirt  trains,  ten  minutes  on  their 
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running  time,  as  furnished  by  the  telegraph  operator,  kept  in 
the  contractor's  camp  by  the  railroad  company.  The  rest  of  the 
trains  were  cleared  as  they  approached  or  else  flagged  until  the 
diirt  traiiis  could  take  a  side  track. 

The  contractor's  outfit  was  a  Standard  gage,  and  the  main 
line  of  the  railroad  was  used  as  a  loading  track  and  for  hauling 
the  material. '  The  excavated  material  was  hauled  two  ways  to 
the  dumps.  One  haul  averaged  a  mile  and  the  trains  were 
dumped  from  the  main  line,  the  material  being  used  to  widen  a 
long  embankment.  The  average  haul  to  the  other  dump  was  2 
miles,  and  the  material  was  dumped  from  a  temporary  trestle, 
being  used  to  make  a  new  embankment  alongside  of  an  old  one. 
Half  the  material  excavated  went  to  each  dump,  as  the  time 
saved  in  dumping  from  the  trestle  compensated  for  the  extra  dis- 
tance hauled. 

The  material  excavated  was  a  red  clay  mixed  with  mica  and 
this  clay  could  be  classed  as  "  average  earth."  In  the  two  months 
29,800  cu.  yd.  of  this  clay  were  excavated,  and  1,200  cu.  yd. 
bf  solid  granite.  The  granite  was  in  the  bottom  of  the  cut,  over 
an  area  about  200  ft.  long.  Encountering  this  rock  and  having 
to  take  it  out  to  grade  retarded  the  progress  of  the  shovel,  as 
during  the  time  the  shovel  was  working  in  the  rock  the  record  of 
cars  loaded  each  day  was  not  over  one-third  as  large  as  when 
working  in  earth  above.  The  side  of  the  cut  was  excavated  to  a 
%  to  1  slope,  with  the  result  that  several  cave-ins  occurred.  Two 
of  these  cave-ins  moved  the  shovel  a  foot  or  more  to  one  side  and 
caused  delays  of  5  to  6  hr.  while  the  shovel  was  being  dug  out  • 
by  hand  and  the  jack  arms  made  solid. 

Outfit.  The  outfit  was  a  new  one,  the  shovel,  cars  and  other 
tools  for  the  most  part  having  been  bought  new.  The  shovel  was 
a  Bucyrus  65-ton,  with  a  2%-cu.  yd.,  dipper,  with  14xl4-in. 
crowding  engines  on  the  boom.  The  shovel  used  had  only  one 
piece  of  timber  on  it,  a  piece,  to  protect  the  hoisting  chain.  The 
dipper  was  speeded  to  make  4  dips  per  min.,  and  in  good  material 
it  sometimes  did  it,  loading  12  cars,  36  dipperfuls,  in  9  miij. 
The  dipper  had  a  lift  of  17  ft.  and  could  dig  earth  27  ft,  to  one 
"side,  dumping  24  ft,  on  the  other  side,  thus  covering  a  distance 
of  51  ft.  By  placing  the  shovel  on  crib  work,  the  shovel  could 
dig  5  ft.  below  the  base  of  rail.  This  style  of  shovel,  equipped 
with  extra  short  arm  jacks,  is  well  adapted  to  grade  revision 
work  on  railroads,  as  it.  is  not  too  heavy  to  move  over  wet 
ground,  and  has  such  a  range  of  work  as  to  admit  of  handling 
heavy  excavation,  with  a  minimum  of  track  la,ying  and-  shifting. 
Such  a  shovel  also  saves  many  moves  forward  in  heavy  exeava- 
tiph,     When  the  pit  is  dry,  this  shovel  could  be  moved  forward 
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6  ft.  in  from,  3  to  4  min.,  although  it  lias  been  moved  in  2  min. 
In  wet,  soft  pits,  when  cribbing  is  necessary  to  hold  up  the 
shovel  and  jack  arm  blocks,  from'  5  to  10  min.  are  consumed  in 
moving  the  shovel  forward.  The  water  tank  on  the  shovel  had 
a  capacity  of  about  1,500  gallons.  I 

Two  Rogers  locomotives  were  used.  These  had  16-in.  cylinders 
and  four  51-in.  driving  wheels.  They  were  second-hand  engines 
just  from  the  shop,  and  each  had  had  a  new  boiler  put  on  it 
within  5  years.  Their  tanks  carried  about  3,000  gallons  of  water. 
Both  of  these  engines  did  good  service. 

Each  train  was  made  up  of  12  Kilbourne  and  Jacobs,  6-yd., 
two  way  dump  cars.  A  record  of  the  cars  loaded  each  day  was 
kept,  and  this  divided  into  the  yardage  given  in  the  engineer's 
estimate  showed  each  car  carried  4i^  cu.  yd.  place  measurement. 
Ordinarily  4  dippers  of  earth  loaded  a  car,  so  each  dipper  load 
ajnoimted  to  1%  cu.  yd.  place  measurement. 

A  gasoline  pump  pumped  water  direct  to  the  steam  shovel,  and 
also  pumped  water  into  a  10,000  gal.  wooden  tank  for  the  loco- 
motives. 

A  3%-in.  Ingersoll  drill  was  Used  in  drilling  the  rock,  steam 
being  furnished  from  the  boiler  of  the  shovel.  -This  drill  was 
capable  of  putting  down  a  20-ft.  hole. 

The  cost  of  the  outfit  was  as  follows: 

Shovel   (65   ton)    {ip.OOO 

2  locomotives    10,000 

24  (6-yd.)  dump  cars  at  $125  3.000 

Tanks,  pumps,  etc.,  for  water  1,000 

.  Rock  drill,  etc 400 

Blacksmith    shop    : 200 

Hydraulic   jacks,    etc 400 

Small   tools 1.000 

Gamp     1,000 

Total f:7,000 

Accident.  The  shovef  had  been  set'  up  and  was  ready  to  dig 
dirt  by  Saturday  night.  In  moving  it  into  position  over  ground 
made  soft  by  the.  previous  month's  rains,  it  careened  to  one  side 
and  fell  over,  the  shovel  and  boom  resting  on  the  main  track. 
8  by  8  timbers  30  ft.  long  had  been  put  under  the  ties  to  stiffen 
the  track  but  a  rail  joint  broke  over  a  point  where  two  of  these 
timbers  butted  together. 

The  wrecking  crane  sent  by  the  railroad  not  being  powerful 
enough  to  lift  the  shovel  it  was  decided  to  place  two  "  deadmen  " 
or  anchors  in  the  ground  on  the  side  of  the  shovel  away  from 
the  main  line  track  and  pull  the  shovel  up  in  this  manner.  This 
was  done,  but  owing  to  the  soft  ground  the  first  "  deadmen " 
pulled  out.     New  ones  were  sunk  much  deeper  and  ties  used  to 
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brace  them.  A  line  was  hitched  atound  the  boiler  of  the  shovel 
and  another  to  the  "  A  "  frame  and  heavy  triple  blocks  used-be- 
tween  the  shovel  and  the  deadmen.  Then  two  locomotives  were 
hitched  to  each  of  the  lines,  and  started  off  in  opposite  direc- 
tions. The  shovel  was  thus  pull«d  over  onto  its  wheels,  setting  in 
the  mud: 

About  midnight  rain  began  to  fall  and  this  retarded  the  work. 
By  5  o'clock  in  the  morning  the  track  was  repaired  and,  traific 
was  resumed.  ;  , 

On  Monday  began  the  work  of  repairing  the .  shovel.  The  hy- 
dVaulic  jacks  raised  the  car  high  enough  to  build, a  track  under  it. 
Several' gear  wheels  were  broken  on  the  boom  and  new  ones  were 
ordered  by  telegraph'  and  put  in  place  when  they  arrived.  The 
dipper  arm  had  been  bent,  and  it  had  to  be  straightened.  All  of 
these  things  were  done  by  the  contractor's  own  forces  in  a  week, 
and  the  shovel  was  again  ready,  to  go  to  work.  The  steel  house 
was^  battered  up  somewhat,  but  a  handy  blacksmith  fixed  up  all 
but  the  corrugated  plates,  and  several  of  these  were  replaced  a 
few  months  afterwal^ds. 

'  G6st  of  Repairs.  The  cost  of  the  repairs  was  about-$l,100.  Of 
this,  $325  was  for  new  parts  for  the  shovel.  The  railroad  com- 
pany's charges  were  $80  and  the  'labor  charges  of  men  working 
on  the  shovel  and  waiting  to  go  to  work,  such  as  train  crews, 
amounted  to  $700.  This  included  office  men  and  all  general  ex- 
penses. „  This  labor  cost  has  been  included  In  with  the  two 
months'  work  that  is  being  described,  as  the  contractor  included 
it  in  with  his  regular  pay  roll  and  it  was  charged  Against  the 
work  done  that  month.  ,  The  repair  bill  and  the  railroad  com- 
pany's charge  have  not  been  included  in  with  the  costs  to  be 
given  below.  These  were  considered  charges  against  the  whole 
job.  The  total  cost  of  the  accident  charged  against  the  yardage 
moved  at  this  point  would  amount  to  less  than  1  ct.  per  cu.  yd. 

Methods  of  Working.  In  order  to  operate  the  contractor's 
trains  the  railroad  company  furnished  a  telegraph  operator,  but 
the  contractor  boarded  him  free  of  charge.  The  dirt  train 
operated  on  "work  train  orders."  The  railroad  company  kept 
an  inspector  on  the  work,  and  with  the  company's  permission  the 
contractor  paid  him  a  salary  and  put  him  in  charge  of  the  dumps 
as  superintendent  of  dumps.  This  was  found,  to  be  a  very  satis- 
factory arrangement. 

The  temporary  trestle  was  about  25  ft.  high.  It  was  built  of 
round  poles,  costing  3  ct.  per  ft.  delivered  on  the  ground.  The 
braces  used  were  3x8  in.,  and  the  stringers  were  12x12  18  ft. 
long,  the  bays  of  the  trestle  being  16  ft.  long.  This  timber  (pine) 
cost  $10  per  M  ft.  B.  M.     The  trestle  was  erected  h\  a  sub-con- 
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tractor  for  $3  pet  M.  This  gave  a  cost  for  the  temporary  trestle 
complete  of-  1%  ct.  for  each  cu.  yd.  dumped  from  the  trestle. 
Only  one-half  the  tna;terial  excavated  in  these  two  months  went 
to  this  trestle. 

Cost  of  Work.  Below  is  given  the  total  cost  of  the  two  months' 
work,  including  all  cost  to  the  contractor  except  the  expenses  in- 
curred at  his  home  office.  With  a  large  number  of-  jobs  going 
on  this  item  of  expense  would  be  small.  A  lOvhr.  day  was 
worked.     The  following  prices  were  paid  for  supplies: 

Black  powder,  per  keg  ., $1^.25 

Dynamite,  per  lb.    , 0.11 

Exploders  (average)    0,06 

Fuse,  per  100  ft 0.45 

Caps,    per   100    0.60 

Goal  (run  of  mines),  per  ton  , ,.  3.25 

The  total  cost  of  the  work  for  the  two  months  was : 

Office  .and'  Superintendence: 

Eneineer  in  charge    $    300.00 

Itookkeeper 130.00 

1  clerk     .' 80.00 

1  telegraph  operator's  board 30.00 

1  night  watchman    70.00 

1  cook  and  1-  flunky  1 130.00 

1  superintendent 280.00 

OiLforcamp  ...'. 14.00 

'    '  $1,034.00 

Loading : 

1  shovel    runner    $    280.00 

1  craneman     ; 180^00 

1  fireman 60.00 

2  pitmen 132.50 

4  pitmen     , i , 212.00 

Blasting: 

Steam  drill  and  driUing $    '42.50 

■,  iPowder   and  dynamite    ..., 52.00 

Exploders,    etc :. '   16.00 

73    tons    coal 237.25 

Oil,  gear  shjeld,  etc 21.00 

Repairs  to  shovel  ",      15.00     ^ 

^  $1,248.25 

Hauling : 

2  locomotive   enginemen  ' $    360.00 

2  firemen    160.00 

2  conductors 300.00 

4  flagmen 212.00 

1  car   oiler 63;00 

200   tons   coal    650.00 

Engine  and  car  repairs   '30.00 

Oil,  waste,  etc 50.00 

$1,823.00 
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Dumping: 

1  inspector ^     80..00 

1  fireman - ••■  J^H" 

12  men ■■■■  636.00 

1  fireman     159.00 

20  men    1,060.00 

Temporary  trestle,  16,100  cu.  yd.  at  1%  ct 281.75 

$2,349.25 
Miscellaneous ; 

IMacksmith     v $169.00 

1  blacksmith  helper   53.00 

Extra  gang: 

1  foreman,  1  month  only  . .  * 54.00 

10  men,  1  month  only  270.00 

;    546.00 

Total  labor  and  Supplies  $7,000.00 

Interest  and  depreciation 1,080.00 

Grand  total   $8,080.50 

Interest  and  depreciation  does  not  include  repairs  and  is 
charged  at  the  rate  of  2%  per  month,  worked.  This  is  an  ample 
allowance. 

The  output  of  the  shovel  per  day  worked  was  nearly  700  cu. 
yd.,  but  for  the  full  number  of  working  days  in  the  two  months 
the  output  per  day  averaged  about  600  cii.  yd.  The  average 
cost  per  cu.  yd.,  including  both  earth  and  rock,  for  the  details 
of  the  work,  was: 

Ofiice  and  superintendence   $0,033 

Loading     0.040 

Hauling    0.059 

Dumping     0.079 

Miscellaneous    0.018 

Interest  and  depreciation  0.035 

Total  per  cu.  yd.   $0,264 

Where  earth  and  rock  are  moved  jointly  it  is  not  possible  to 
keep  the  actual  cost  of  each  class  of  excavation,  but  the  total 
cost  of  the  two  can  be  kept,  and  a  comparative  cost  with  the  con- 
tract price  for  the  earth  and  rock  can  be  calculated.  This  is  a 
cost  that  can  be  relied  upon. 

To  illustrate  the  comparative  cost  an  example  will  be  given. 
If  earth  is  being  excavated  for  35  ct.  and  rock  for  75  ct.  and 
10,000  cu.  yd.  of  earth  and  5,000  cu.  yd.  of  rock  are  excavated, 
and  there  is  made  a  profit  of  15%  on  the  work,  then  the  cost 
of  the  earth  excavation  will  be  85%  of  35  ct.  or  29%  ct.,  and  the 
cost  of  the  rock  excavation  will  be  85%  of  75  ct.,  or  63%  ct. 

Such  costs  on  this  work  figured  out,  there  being  a  profit  made 
of  nearly  20%,  gives  for  earth  the  following: 
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Office  and  superintendence  $0,032 

Loading     0.037 

Hauling    0.054 

Dumping     0.072 

Miscellaneous    0.017 

Interest  and   depreciation    0.033 

Total  per  cu.  yd $0,245 

The  cost  of  the  rock  excavation  per  cu.  yd.  was: 

Office  and  superintendence   $0,085 

Loading     0.098 

Hauling     0.148 

Dumping 0.190 

Miscellaneous    0.046 

Interest   and   depreciation    0.089 

Total  per  cu.  yd $0,656 

Cost  of  Excavating  Gravel  in  a  Canal.  Mr.  J.  B.  Brophy 
furnishes  the  following  data  to  Engineering  and  Contracting,  Oct. 
14,  1908.  The  work  was  done  at  the  canal  near  Trenton,  Ontario. 
The  material  was  a  gravels  The  cutting  was  10%  ft.  deep  and 
was  side  cutting,  the  material  being  loaded  into  cars  as  high  as 
the  machine  would  reach.  From  June  1  to  13  the  shovel  exca- 
vated 16,000  cu.  yd.,  the  average  haul  being  1,200  ft.  From 
June  15  to  30,  20,000  cu.  yd.  were  excavated,  the  average  haul 
being  1,400  ft.  This  makes  a  total  of  36,000  cu.  yd.  with  an 
average  haul  of  a  little  more  than  1,300  ft. 

The  outfit  used  on  the  work  consisted  of  the  following:  A 
65-ton  steam  shovel  with  a  2%-cu.  yd.  dipper,  made  by  the 
Bucyrus  Steam  Shovel  Co.,  of  South  Milwaukee,  Wis.  Two  12- 
'ton  Porter  dinkeys.  About  %-mile  of  track  was  used  and  22 
dump  cars  of  4  cu.  yd-,  capacity.  The  cost  of  this  outfit  was 
approximately  as  follows: 

65-ton  shovel  $  9,000 

2  (12-ton)   dinkeys   5,000 

22  (4-yd.)  dump  cars  at  $230  : 5,060 

16  tons  20-lb.  rails  at  $32  612 

1,000  ties  at  10  ct 100 

Total $19,672 

Estimating  2%  for  monthly  interest,  depreciation  and  repairs, 
gives  a  charge  per  month  of  about  $390. 

The  shovel  worked  12  hr.  per  day,  but  the  track  gang  and 
water  wagon  only  worked  10  hr.  per  day.  We  assume  the 
standard  wages  on  this  class  of  work,  which  are: 

Shovel   runner    $125  per  month 

Oraneman    , 90  per  month 

Fireman    v 60  per  month 

Watchman    40  per  month 
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Dinkey  runners  -  J3.00  per  day 

Brakemen    2.00  per  day 

Ffiremen 3.00  per  day 

Oiler    1.75  per  day 

Laborers   1.60  per  day 

Water    boy    ■■  1.00  per  day 

Team  (with  driver)    5.00  per  day 

-  -'     '    .  '\ 

During  the  month  26   days   were  worked.     The   total   cost   of 

the  work  and  the  organization  of  the  forces  were:        '      '      > 

Loading; 

1  slibvel  runner    $125.00 

1  craneman    SO.OO 

],,firem4n 60.00  - 

i'pitmen 156.00 

i  team  hauling  "water   1*0.00 

50  tons  coal  at  $5  260.00 

Oil,  waste,  etc. 10.00 

Total  loadiiig   .i.:i $871.00 

Hauling': 

2  Dinkey  runners    .'. . .    $156.00 

■      i       2  brakemen , , <f.  104.09,, 

1  oiler    ,'.....^..  45.6,0 

1  trackman     ...J ....;..  39.00 

60  tons  coal  at  $5  j ; ...,...',: 300.00 

Oil,  waste,  etc.   ..'..., , 16.00 

Total    hauljjxg: $660.50     , 

Dumpiiig: 

1  foreman $  78.00 

16,  laborers , , 624.00 

1  water   boy ., 26.00 

Total  dumping  ,..    $728.00 

Track  gang   ' 

1  foreman     ; i $-78.00  ■ 

5  laborers 195.00 

1  superintendent „..'. 150.00 

1  timekeeper    65.00 

1  watchman  *  . .  .■ .• J ■. 40.00 

Interest,  depreciation  and  repairs   (estimated)  V. .  ^  . .  390.00 

Grand  total $3,177.50 

The  cost' per  eu.  yd.  of  material  excavated  was: 

Superintendence $0,007 

Loading    ! '  fl  024 

Hauling    J o!oi8 

Dumping  ,. 0.020 

Track  work  , 0.008 

Interest,' depreciation '  and  repairs  (estimated)    0,010 

Total  per  cu. 'yd'.'  . ... .'. jo.OS7   ''  ''■ 

The   yardage  moved   in   one  shift  is  very   large  for   this   size 
shovel.,   ! 
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A  High  Steam  Shovel  Output.  Engineerirt.g  and  Contracting, 
Aug.  25,  1900,  gives  the  following:  During  the  month  of  March, 
1909,  a  60-ton  shovel  moved  §7,000  eu.  yd. , of ,  material  from  a 
very  wet  cut,  on  the  Carolina,  Clinchfield  &  Ohio  Ry.  The  quan- 
tity of  water;  encountered  is  indicated  by  the  fact  that  the  dinkey 
track  required  corduroying  with  two  layers  of  poles  for  its  en- 
tire length  of  12  ft.  on  each  lift.  'This  same  shovel  also  moved 
35,000  cu.  yd.  in  January  and  26,000  cu.  yd.  in  February,  making 
_  a  total  of  97,000  cu.  yd.  for  three  winter  months.  This  fine  record 
is  due  in  part  to  the  excellent  orgahization  of  the  contractors  and 
their  skill  in  taking  advantage  of  every,  opportuhity  of  increasing 
the  output. 

As  a  comparative  cost  per  cu.  yd.  to  the  contractors  for  this 
shovel  during  the  month  of  March,  actual  figures  as  obtained 
from  them  are  given  below: 

■  March  Estimate,  37,000  cu.  yd. ;  Working  Days,  24    ,    ■ 

Labor '. $2,076;27 

Coal i '480^00 

Supplies     ..." 25.00 

Repairs 95.00 

Oil  waste  50.00 

Depreciation 170.00 

Total    ^ $2,896.27 

Cost  per  cu.  yd f0.08 

Plus  trestle    ....'.....'. .01 

Total  J0.09 

The  distributed  cost  is  as  follows: 

Per  cu.  yd. 

' " '    Loading -  $0,028      i 

Hauling     COlS 

Dumping     0.019 

Trestle    ■ 0.010 

'    Maintenance    ■ • 0.015 

'   Total : ....; ?0-090 

This  material  was  handled  by  three  12-ton  dinkeys,  each  h3,ul- 
ing  nine  ,4-cu.  yd.  cars  and  side  dumped  from  a  65-ft.  fill.  ,  ,,   ;^ 

Engineering  News,  Apr.  21,  ,1910,  st,ates,tlvat  all  records  hitherto 
made  on  the  Panama  Canal  were  broken  by  Steam  Shovesl.^lS 
working  in  the  Culebra  cut  on  March  ,22.  According"  ,  to  tJfie 
Canal  Record  of  March  30,  this, shovel  e}f:cayated  in  eight  hours' 
working  time  4,823  cu.  yd.  of  rock  and  earth,  measured  in  pls^ee, 
and' loaded  235  Lidgerwood  cars.  The  shovel  was  actually  word- 
ing five  hours  and  twenty  minutes  of  the  time,,  sq  .the  actual, 
average  rate  of.  work  was  15  cu.  yd-  per  min.  The  distribution 
of  ;time  for  the  eight  hojtirs  was  as  follows:  -    ,, 
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Minutes    • 

,  Time  loading  320 

Moving  up  20  times,  5  minutes  each  100 

Waiting  for  cars   55 

Coaling   shovel    .- 5 

The  cost  for  labor  for  running  the  shovel  on  this  day  was 
$30.21,  and  the  cost  for  supplies  was  $24.59,  making  a  total  ex- 
pense of  $54.80,  itemized  as  follows: 

Lahor 

1  engineer,  one  day,  at  $7.56  >. ...'•  ¥7.56 

-    1  craneman.  one  day,  at  $6.48  , ., 6.48 

1  foreman, '  one  day,   at  $2.83 2.83 

2  firemen,  one  day  each,  at  $1.67  3.34 

1  laborer,  8  hours,  at  13  ct 1.04 

7  laborers,  8  hours  each,  at  16  ct 8.96 

Total   labor    $30.21 

Supplies 

5%  tons  of  coal,  at  $4.41  ■ $23.15 

'3  gallons  of  car  oil,  at  18  ct .54 

2  gallons  of  valve  oil,  a,t  31  ct .62 

2  lb.  of  cup  grease,  at  10  ct 20 

1  lb,  gear  grease,  at  8  ct 08 

Total  supplies    $24.59 

Grand   total    $59.80 

This  is  1.14  ct.  per  cu.  ydv 

Steam  Shovel  Work  on  the  Western  Maryland  Ry.  Engineer- 
ing and  Contracting,  Apr.  26,  1911,  gives  the  cost  of  excavat- 
ing during  a  record  month  by  a  70-ton  Bucyrus  shovel,  one 
of  13  shovels  used  on  the  Cumberland-Connellsville  exten- 
sion 

The  plan  of  taking  out  tHe  cut  required  a  switch-back  in  order 
to  get  the  material  to  the  fill.  The  distance  from  the  center  of 
gravity  of  the  cut  to  the  center  of  gravity  of  the  All  was  1,600  ft. 
by  dinkey  track  measurement,  and  a  3.5%  grade  was  used  from 
the  mouth  of  the  cut,  to  a  point  of  switch-back,  a  distance  of 
950  ft.  "A  passing  siding  open  at  both  ends,  of  sufficient  length 
to  hold  a  dinkey  and  12  dump  cars,  was  placed  about  mid-way 
of  the  switchback  and  as  soon  as  the  loaded  train  cleared  the  up- 
hill switch  the  fempty  train  had  a  clear  right  of  way  to  the 
shovel. 

The  record  output  of  37,100  cu.  yd.  in  30  working  days  (one 
10-hr.  shift)  was  made  during  the  month  of  March,  1911. 

The  grade  left  by  the  shovel  in  making  each  cut  was  always 
in  a  uniform  condition  for  moving  the  shovel  back  for  a  new 
cut  and  when  the  dinkey  track  was  thrown,  it  required  very  little 
surfacing  to  put  it  in  order.  A  gang  of  1  foreman  and  4  men 
maintained  the  track  and  kept  it  in  such  good  condition  that 
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it  was  possible  for  a  16-ton  dinkey  to  haul  twelve  >4-cu.  yd.  cars 
at  a  high  speed. 

A  dump  gang  of  1  foreman  and  8  men  was  able  to  take  care  of 
the  material  as  it  came  to  the  fill  and  at  the  same  time  keep 
the  dump  in  good  shape.  In  beginning  the  fill  (that  is  when 
the  material  was  dumped  from  the  trestle),  planks  were  ex- 
tended from  each  side,  in  order  to  hold  a  foot  walk  for  the  men, 
so  the  entire  train  could  be  dumped  from  the  trestle.  In 
doing  this  there  -was  always  enough  material  deposited  on  the 
bottom  sills  of  the  trestle  bents  to  prevent  the  main  fill  from 
pushing  the  trestle  down. 

The  method  of  raising  the  fill  from  the  trestle  (which  is  below 
grade)  to  a  height  to  allsw  for  shrinkage,  is  novel.  As  the 
trestle  on  side  hill  work  is  always  placed  on  the  up-hill  side 
of  the  center  line,  by  elevating  the  down-hill  rail,;  it  prevents 

fiflowancB 
for  ShnnHagd 


Fig.  50.     Section  of  Fill. 


the  cars  from  being  overturned  in  dumping  ( requiring  very , 
little  chaining,  only  when  the  cars  are  loaded  with  heavy  boul- 
ders) and  at  the  same  i,vme  the  dump  is  being  raised  to  the 
proper  height,  0  to  B,  at  the  required  width^  of.  roadbed  on  the 
lower  side,  as  shown  by  Fig.  50;  the  fill  is  then  made  from 
B  to  A. 

For  the  first  15  days  the  shovel  was  working  in  a  hard  sand- 
stone ledge  about  12  ft.  thick,  and,  in  shooting,  the  material 
broke  in  large  boulders  which  required  considerable  chaining.  A 
total  of  16,000  eu.  yd.  were  moved  during  this  time.  During  the 
latter  15  days  the  shovel  was  working  in  black  shale  and  moved 
21,100  eu.  yd. 

There  were  five  moves  during  the  mohth,  a  distance  of  500  ft. 
each  time.  There  was  an  average  loss  of  1  hr.  each  day!  during 
the  month  in  shifting  track  on  the  dump.  The  total  number 
of  cars  for  the  30  days  were  12,443.  The  largest  day's  run  was 
836  cars,  the  average  number  of  cars  per  day  was  415,  and  the 
average  yardage  per  car  was  2.98  cu.  yd. 

The  cost  of  the  work,  37,100  cu.  yd.  for  the  month,  was  as 
follow* : 


49ft  HANDBOOK  OP  EARTH  EXCAVATION   - 

Total  expense  of  the  Bliovel,  incliiding  superintend- 
ent, walbfng  boss,  shovel  and  dinkey  crews  and  .„.„„., 

all  other  labor |3,623.00  i^-M* 

Explosives 1302.00  0.00%. 

Trestte   - ; 229.00,  0.00% 

Coal    .'.....!.'.... 235.00  0.00%' 

Oir  and  -waste ■ , 32.00       •       :   0.001% 

Water     112.00,',-       ,     D.OOi,^ 

Interest  on   plant    110.00  0.001,^ 

Depreciation     :; 460.00  0.01% 

Total     .....! '. $5,103.00  ?0.13% 

The  equipment  comprised  one  70-ton  Bucyrug  shovel,  two  16-ton 
Vulcan  dinkey  engines,  24  4-cu.  yd.  Western  dump  cars,  54  tons 
60-lb.  rail  and  one  Cyclone  well  drill. 

Excavation  on  the  Chicago,  Milwaukee  and  St.  Paul  Ry. 
Engineering  and  Gontracting,  July  28,  1909,  gives  the  following? 
On  the  construction  work  of  the'  C.  M.  &  St.  P.  coast  extension 
there  were  many  large  fillg.  From  one  steam  shovel  pit,  the 
Newcomb,  some  250,000  :Cu.  yd.  of  material  was  taken. 

The  following  tabulated  statement  shows  the  data  of  and  cost 
of  operations  at  this  pit  for  the  month  of  Mar.,  1909:  — 

Shovel  —  Bucyrus  No,  453,  S^^-yd.  dipper/  65-ton. 
Engines  —  Prairie  type,  3  in  use,  tractive,  power,  33,300"lb.  ~ 
Cars  —  "Wes-tern  dumij,,  average  load  12.6  yd. 
Trains  —  1  engine  handling  13  loads,  and  caboose  per  train. 
Yardage,  68,000  cu.  yd.,  handled  in  27  working  days,  10  hours  each. 
Yard  miles,  308,780. 

Average  haul,  j.54  miles.  Rate  of  ascending  grade  against  loads,  88  ft. 
per  mile. 

Labor  Loading: 

Steain  shovel  pay  roll  ." ...: $1,815.64 

Section   labor    .:.. ;.. 99.94 

Total  labor $^15^58 

"Work  train  service: 

Conductors,  95.8  days  at  $3.68 $    352.54 

Brakemen,- 191.6  days  at  $:.53   484.75 

Engineers,:  95.8  days  at  $4.40   421.52 

Firemen,  95.8  days  at  $2'.95  '. 282.61 

■  '          -768  tons  of  coal  at  $4  .: ■ ...; : 3,072.00 

1,916,000  gal.    water    (255,466   cu.   ft.   at   .07   per   100 

cu.    ft.)     ■ 178.83 

95.8  engine  days  for  supplies  at  $0.36  30.66 

81.0  engine  days,  for,  depreciation  at  $2,.03  164.43            ' 

81;0  engine  days  for  repairs  at  $3  243.00 

,  81.0'  engine  day^  for  i  interest  at  $2 .03  164.43 

Total |6j394.77 

Coal  Used  by  Steam  Shovel:  '-     •'■  " 

1728  tons  coal  at  $1 $    691.20., !■'    "f- 

Total    , $8,001,55 
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Less  Comp.  Credits  (Eiofits) 

Boarding   comp. V: . .    $    174.27 

Commissary    t 15.74 

Total    credits    '... %    190.01      ' 

Total  cost,  net   ■• $7,8J.1.54 

The  cost  was,  therefore,  11.5  ct,  per  cu.  yd:  for  68,000  cu.  yd. 
handled  during  the  month. 

Excavation  on  the  North  Shore  Channel,  Chicago.  Sections 
Nos.  4  and  5  of  the  North  Shore  Channel  of  the  sanitary  district 
of  Chicago  were  contracted  to  Janies  O.  Hayworth.  The  work 
.  of  drag  line  machines  on  these  sections  was  described  in  Engineer- 
ing and  Contracting,  April  27,  1910. 

The  top  10  ft.  consisted  of  a  clay  which  could  readily  be  dumped 
from  dump  cars,  but  below  this  the  clay  was  heavy  and  tenacious 
and  came  in  large  lumps.  It  was  excavated  by  a  70-ton  Vulcan 
steam  sliovel  with  a  3-cu.  yd.  dipper.  The  steam  shovel  loaded 
into  Western  3-cu.  yd.  ■  dump  cars  which  were  handled  by  Daven- 
port locomotives  ou^  of  the  cut  and  onto  the  crib  piers  behind 
which  the  spoil  was  dumped. 

These  cars  were  dumped  in  the  usual  way  until  the  sticky  clay 
noted  above  was  met,-  then  they  would  not  dump  properly.  A  der- 
rick was  then  arranged  to  do  the  dumping.  A  sling  was  devised 
which  would  hook  into  and  lift  the  car'  bodj^  from  the  trucks  and 
by  winding  up  on  the  engine  would  tilt  the  body  and  empty  it. 

The  cost  of  excavation,  as  kept  by  the  engineers,  was  as  fol- 
lows for  -IQOS,  when  194,280  cu.  yd.  were  excavateds  An  8-hr. 
day  was  worked  and  wages  paid  were  as  follows: 

Men  in  dump  per  day  11.50 

Men  around  shovel  per  day   , 1.75 

Steam  shovel  enginemen  per  month   $125  to  $150 

Steam  shovel  cranemen  per  month ., 90 

The  value  of  the  excavating  plant  used  was  $16,035,  and  the 
assumed  depreciation  chargeable  to  Section  1  was  $16,035  X 
50%  =  $8,017. 

The  total  amount  expended  on  excavation  (194,280  cu.  yd.)  in 
1908  was  as  follows: 

Materials :  '  Total 

Operation    $8,639 

Bepairs   and  plant   v 7,156 

Totals $15,795 

Per  cu.  yd $0.08i 

Labor : 

Operation^ $32,241 

.   Repairs  and  plant   3,295 

I  .    ,  

Totals    ,.,-,-„..... $35,536 
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Per  cu.  yd. .• • ^•■-  $0.-182 

Grand  totals   J51,331 

Per  cu.  yd. ,■■■•■■• ^"'^^ 

The  items  making  up  these  totals  were  as  follows: 

Materials :                      Operation       Eep.  &  Pint.  Total 

.Shovel    $1,208                 $1,502*  $2,710 

Dinkeys    753                   1,148  1,901  ' 

Track     0                   2,222  2,^22        , 

Dump     259                           0  259 

Cars    216                '   1^863  2,079     . 

Coal    6,066                         0  6,Q06 

Office    0                      360  '360 

Insurance    0                         0  '0 

General     136                        61  197        _  , 

Totals     $8,638                 $7,156  $15,795 

Labor : 

Shovel $8,728                 $    820  $9,548 

Dinkeys     5,876                        369  6,265 

Track   : '. :...         5,951, ,                       0  5,951 

Dump 9,146                         0  9,146    '  ' 

Cars .: :          '34                   1,975  2,009' 

Coal    585                         0  585 

Office    0                         8  8 

Insuralnce    606                         0  «06 

General 1,315                      103  1,418 

Totals    '....<...;;...      $32,241                 $3,295  $35,536 

The  costs  of  operation  in  excavation  were  distributed  as,  fol- 
lows per  cu,  yd.: 

Steam  Shovel: 

Labor    $0.0450 

Coal 0.pl72 

Supplies     , 0.0062    ' 

General 0.0034 

Total $0.0718 

Transportation : 

Labor    $0.0310 

Coal 0.0171 

Supplies  : 0.0051 

General    0.0009 

Total    $0,0541 

Track : 

Labor    $0.0314 

General  and  supplies    0.0009 

Total    • ;. ;..... $0.0323 

Dump; 

Labor    $0.0478 

Supplies     0.0012 

General , 0.0023 

Total    $0.0513 

Grand  total  $0.2095 
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Steam  Shovel: 

Labor    $0.0021 

Materials 0.0035 

General 0.0004 

Total    $0.0063 

Transportation : 

Labor    $0.0061 

Material     0.0077 

General    0.0004 

Total $0.0142 

Track : 

Materials  v . . ;. $0.0057 

General 0.0004 

Total    '. $0.0061 

Grand  total $0.0266 

In  figuring  the  net  costs  of  repairs  and  plant;  charges  the  total 
estimated  amount  of  excavation  on  the  section,  or  390,000  cu.  yd. 
has  been  used  as  the  divisor.  The  reason  for  this  is:  that  the  re- 
pair and  plant  charges  itemized  v^ere  all  that  were,  necessary  to 
put  the  plant  in  shape  to  complete  the  work.  Summarizing 
we  have: 

Operation    $0,209 

Repair  and  plant  charges 0.027 

Depreciation   on  plant   - ,0.021. 

Total  per  cu.  yd $0,257 

Yearly  Average  Outputs  on  the  Hill  View  Reservoir.  The 
yearly  output  of  steam  shovels  in  building  the  earth  embankment 
for  the  Hill  View  Reservoir,  New  York  City,  is  given  by  Arthur 
Tidd,  in  Engineering  News,  Sept.  9,  1915.  The  formation  was  of 
very  hard  packed,  dense,  glacial  drift,  containing  many  stones  and 
boulders  but  no  ledge  rock.  The  material  was  well  graded  from 
a  coarse  sand  down  to  a  very  fine  rock  flour,  and  was  •  a  most 
excellent  one  for   a   reservoir   embankment. 

All  the  material  was  excavated  by  steam  shovelsj  and  about 
70%  sent  out  on  trains.  As  long  as  the  complete  steam  shovel 
plant  could  be  operated  (that  is  until  the  bank  became  so  nar- 
row on  top  that  the  dumping  area,  was  restricted)  the  material 
was  taken  out  of  the  basin  by  two  tracks,  one  at  the  north  and 
one  at  the  south  end,  using -pushing  engines  when  the  grade  re- 
quired them.  Both  lines  were  relocated  and  regraded  several 
times  as  the  banks  rose.  The  steam  shovels  used  for  the  bulk 
of  the  excavation  were  four  heavy  70-ton  shovels;  and  four  light 
3()-ton  shovels.  The  large  shovels  worked  in  the  heavy  cuts, 
taking  the  full  depth   (40  ft.  at  the  deepest  point)   at  one  time. 
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These  cuts  were,  however,  shot  ahead  of  the  shovel  with  black 
powder.  The  small  shovels  took  the  lighter  cuts,  aiid,  in  a  few 
cases  ran  through  in  two  lifts.  The  material  was  handled  in 
4-yd.  side-dumping  cars  in  lO-car  trains  by  10-  to  15-ton  loco- 
motives running  on  3-ft.  gage  track  laid  with  65-  to  70-lb. 
rails.  ■  i 

A  large  number  of  boulders  of  all  sizes  up  tp  1  yd.,  and  in 
some  cases  2  or  3  yd.  in  volume,  were  encountered  everywhere 
throughout  the  cuts,  and.  their  handling  became  an  important 
factor  in  the  general  excavation  problem.  Many  boulders  were 
saved  for  ;tuture  use  in  paving,  riprap  or  for  crushed  stone,  but 
the  accumulation  interfered  so  much  with  succeeding  excavation 
operations  that  the  following  seasons  as  many  as  possible  were 
sent  out  onto  the  bank.  A  large  force  using  a  portable  gasoline 
air-compressor  for  drilling  was  employed  continuously  breaking 
up  boulders.  Winter  wiork  helped  somewhat,  but  the  pioblem 
vifaS  an  ever  present  and  troublesome  one. 

Although  monthly  outputs  ranging  from  20,000  to  24,000  cu. 
yd.  per  70-ton  shovel  were  not  uncommon  in  the  early  part  of 
the  work,  the  best'  year  output  was  190,000  cu.  yd.,  and  the 
average  yearly  output  for  each  of  two  shovels  for  five  years  was 
120,000  cu.  yd.  The  shovels  were  in  use  practically  all  the  time. 
The  length  of  working  day  was  8  hr.,  and  one  shift  daily  was 
worked.  The  average  yearly  output  for  each  of  three  30-ton 
shovels,  was  49,000  cu.  yd.,  or  about  40%  as  much  as  with  the 
70-ton  shovels. 

A  Crood  Steam  Shovel  Record.  The  Excavating  Engineer,  Oct., 
1915,  states  that  a  3-yd.,  70-ton  Bucyrus  Steam  Shov«lj  working 
in  hard-packed  sand  with  loam  and  gravel,  at  Providence,  R.  I., 
averaged-  2,816  cu.  yd.  per  10-hr,  day  for  12.5  days,  loading 
into  4-yd.  cars.  The  face  averaged  about  12  ft.  high.;  The  ma- 
terial was  hauled  in  three  trains,  of  fourteen  4-yd.  cars  each,  by 
20-ton,  36-in.  gage,  locomotives,  an  average  distance  of  about 
Ys  mile.  During  the  12.5  days  about  0.5  day  was  lost  the  first 
day,  and  two  other  days  were  devoted  to  moving  back  to  a  new 
cut. 

Records  on  a  large  Cut  for  Track,  Depression.  Engineering 
arid  Contracting,  June  28,  1916,  gives  the  following;, 

A  900,000-cu.  yd.  cut,  which  eliminates  39  crossings  at  grade 
was  made  in  Minneapolis,  Minn.  In  this  work  the  tracks  were 
lowered  to  give  a  clearance  under  bridges  of  18%  ft.;  this  neces- 
sitated a  cut  averaging  22  ft.  in  depth.  The  work  was  done  by 
the  operatmg  department  of  the  Chicago,  Milwaukee  &  St.  Paul 
R,  E.  with  company  forces. 

The  total  depth  of  the  cut  was  made  in  from  5   to  7   cuts, 
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depending  upon .  the  depth  carried.  These  cuts  were  generally 
carried  for  a  stretch  of  about  eight  blocks  at  a  time.  The  usual 
method  of  procedure  was  to  use  one  traclc  as  a  loading  track 
while  the  shovel  was  making  as  deep  a  cut  as  possible  to  one 
side.  This  usually  averaged  about  8  ft.  When  this  cut  Was 
completed  to  the  required  distance,  a  new  track  was  laid  here 
and  used  as  a  loading  track  while  the  shovel  was  shifted  to  the 
other  side.   ,  ,  ,  i  • 

The  shovel  used  was  a  65-ton  Bucyrus  equipped  with  a  2%'yd. 
dipper.  ,iThis  shovel  was  shipped  from  the  manufacturer's  shops 
in  the  s^pring  ,of  1907  and  has  been  .in  steady  service  for  the  past 
eight  years.  Three  dirt  trains  were  used,  consisting  of  125  t(  12^yd. ) 
Western  air  dump  cars.  Each  train  was  hauled  by  a  class  C-2 
(2-8-0)   locomotive. 

Below  is  a  statement,  prepared  by  J.  G.  Wetherell,  assistant 
engineer,  who  was  in  direct  charge  of  the  work,  for  th&  operating 
department,"  for  shovel  operation  from  April  19  to  July  23. 

Total  amount  of  excavation  for  season,  cii.  y(^.  ; .'.' 195  90S 

Total  number  of  dayS' shovel  worked- ;'.....,.... ,,',         '  82 

Number  of  cuts'shpvel  made .-;! '    g 

Total  distance  shovel  gxcavated  (total  length  of  cutsT,  ft 16,076 

Average  distance  excavated  per  day  shovel  worked,  ft ,..-,.,, -_  196 

Average  number  of  hours  shovel  worked  per  day,  hr, , t       ,8.80 

Total  number  of  cars:  loaded 17,107 

Average  number  of  cairs  loaded  per  day  208.6 

Average  number  of  pu.  yd.  per  car,  cu.  yd ." 11.46 

Average  number  of 'qu.  yd.  excavated  per  day  2,389,1 

Average  distance  excavated  material  hauled,  miles  5.28 

Greatest  excavation  for  1  month  (June),  cu.  yd 72,934 

Average  daily  excavation  for  June,  cu.  yd ; 2,805- 

Delays  amounted  to  12%  .of  the  total  time,  distributed  as  follows:  3.4%, 
moving  shovel  from  one  cut  to  next;  5.3%,  no  cars,  due  to  trouble- at  the 
dump  or  to  main  line  l)eing  used  for  other  piirposes ;  1.3%,  rain ;  0.2%, 
shoveVbreakdowna ;  0.8%,  derailments  in  cut;  1.0%,  miscellaneous. 

Stripping  in  the  Anthracite  Coal  Region.  The  following  is 
from  a  paper  by  J.  B.  Warringer  in  the  Am.  Inst.  M.  E.,  as 
abstracted  in  Engineering  and  Contracting,  Jan.  17,  1917.  The 
work  is  stripping  earth  overlying  coal  in  Pennsylvania.  , 

The  equipment  required  for  a  one-shovel  pperation  is  about  as 
follows :    , 

,1  70-toii  shovel.  1  steam   drill. 

Ji.:fr3  18-ton  locomotives.  1  water  tank. 

.20  5-yd.  dump  cars.,  1  boiler.  . 

1  star  drill.  1  blacksmith  shop. 

'  Necessary  rails,  sills,  pipe  lines,  tools,  etc.  ' " 

The  total  capital  outlay  for  §uch  an,  outfit  is  approximately 
$30,000.  .    ,  ,,,,  „,, 

i  The  average  force,  required  to  operate  a ,  one^shovel  strippiug 
consists  of  about  35  mpn,  roughly  ,  3.3  follows :  1 
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1  foreman. 

1  shovel  engineman. 

1  craneman. 

1  fireman. 

1  watchman, 

2  laborers. 
4  jackmen. 

3  locomotive  enginemen. 
1  dump  boss. 


6  dumpmen. 

1  track  boss. 

2  trackmen. 

2  drillers,    8   helpers. 
1  boiler  fireman. 

1  blacksmith  and  helper. 

2  coal  diggers. 
1  driver. 

1  Bwitchboy. 


The  wages  paid  these  men  amount  to  $2,100  per  month.  The 
shovel  engineman  is  paid  $140  a  month,  the  craneman  $95;  loco- 
motive engineman  $0.25  per  hr.  These  rates  are  all  subject,  how- 
ever, to  the  recent  increases  granted  the  mine  workers,  ranging 
from  7  to  15%. 

The  method  of  opening  a  stripping  with  either  a  Bucyrus 
70-ton   shovel   or   a   Marion   60-ton    shovel,   which   are    the   two 


Fig.  51.     Method  of  Opening  a  Stripping. 


types  most  widely  used  in  anthracite  stripping  work,  is  as  fol- 
lows (Fig.  51)  :  For  the  first  cut  the  track  is  laid  on  the'  sur- 
face along  one  limit  of  the  stripping,  usually  the  bottom  rock 
side,  and  the  shovel  cuts  down  grade  alongside  the  track  until 
a  depth  of  9  ft.  is  reached,  this  being  the  maximum  cut  that  the 
shovel  can  take  and  load  overhead.  When  the  first  cut  is  com- 
pleted for  the  length  of  the  stripping,  the  track  is  laid  in  this 
cut  and  the  shovel  again  cuts  down  grade  until  a  depth  of  9  ft. 
below  the  first  cut  is  reached. .  The  shovel  then  continues  cut- 
ting toward  the  other  limit,  the  additional  depth  being  de- 
termined by  the  depth  of  surface  over  the  vein  up  to  30  ft., 
which  is  considered  the  proper  maximum  height  for  a  clay"  cut. 
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In  working  by  the  above  method,  it  is  necessary  to  leave  a 
bench  at  least  13  ft.  in  width  for  the  laying  of  the  track.  Local 
conditions,  as  a  rule,  render  it  Impossible  to  maintain  any  such 
plan  for  the  entire  life  of  a  stripping. 

The  first  cut  as  described  above  is  always  the  first  made  in  a 
stripping  except  in  the  case  of  what  is  known  as  a  side-hill 
stripping.  Here  the  track  is  laid  on  the  surface  and  the  shovel 
started  at  an  elevation  that  will  give  the, required  cut  at  the 
vertical  limit. 

Rock  cuts  are  usually  made  from  22  to  25  ft.  in  height. 

The  tracks  to  the  dump  are  always  on  an  ascending  grade  of. 
1%,  but  usually  higher.  Four  per  cent  is  common,  and  grades 
as  high  as  7%  have  been  used.  The  grade  of  the  tracks  in  the 
stripping  pit  is  governed  by  the  necessary  rise  in  elevation  to 
reach  the  dump.  The  loeomotives  used  vary  in  size  up  to  20  tons, 
the  latter  being  about  the  heaviest  type  that  can  be  used  safely 
on  a  dump  of  any  height.     A  20-ton  locomotive  will  push: 

10  i%  cu.  yd.  cars  on  a  1%  grade. 
8  4^  cu.  yd.  cars  on  a  3%  grade. 
6  iVi  cu.  yd.  cars  on  a  i%  grade. 

The  general  and  best  practice  for  stripping  tracks  is  to  use 
60-lb.  rails  and  -nothing  under  a  No.  6  frog.  Curves  should  be 
kept  to  under  10°,  but  20  to  25°  curves  are  used,  especially  in 
forming  a  dump. 

Dumps  are  made  of  all  heights  and  sizes.  There  is  less  main- 
tenance cost  with  heights  of  about  25  ft.,  as  higher  dumps  tend 
to  settle  and  slip  in  wet  weather. 

The  cars  most  widely  used  are  side-dump  cars  having  capacities 
of  4,  414  and  5%  cu.  yd.  Some  8  and  10-cu.  yd.  cars  have  been 
used  with  success. 

Under  proper  conditions  outputs  as  high  as  30,000  cu.  yd. 
per  month  have  been  obtained  for  one  shovel  in  clay.  The  aver- 
age is  about  18,000  cu.  yd.  per  month  in  clay,  varying  consider- 
ably according  to  season  as  shown  in  Fig.  52. 

Hoisting  Planes.  If  the  stripping  is  not  too  deep,  all  the  ex- 
cavated material  can  be  removed  by  locomotives.  In  many  cases, 
however,  this  is  not  feasible,  and  hoisting'  planes  must  be  re- 
sorted to.  Practically  without  exception,  even  in  the  largest 
operations,  these  are  single-track  planes  operated  by  small  sec- 
ond-motion hoisting  engines  with  a  capacity  of  about  150  dump 
cars  per  day,  or  about  the  output  from  one  shovel.  The  prac- 
tical problem  involved  in  putting  these  planes  down  along  the 
steep  sides  of  the  average  pit  is  often  a  serious  one.  Some  of  the 
planes  are  anchored  on  a  slope  of  50  to  60°  pitch  by  bars  sunk 
into  the  solid  rock  to  which  the  roadbed  is  tied,  presenting  a 
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,veiy  interesting  sight.  While  nothing  can  be  said  against  these 
small  hoists  for  a  one-shovel  stripjpihg,  it  is  undoubtedly  bad 
practice  to  use  them  in  the  larger  operations  employing  two  or 
more  shovels.  Th«re  are  practically  none  of  these  that  cannot 
be  laid  out  so  that  the  output  from  two  shovels  can  be  brought 
to  the  foot  of  one  plane,  and  this  plane  should  be  equipped  with 
a  hoist  capable  of  handling  with  ease  300  and  more  cars  ,  per 
day.  This  plane  can  be  either  single  track  or  double  "track,- but 
the  grade  should  be  maintained  at  about  20°,  which  is  the  average 
for  the  Single-track  planes  now  in  use.         ' 
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Eig.  ;  52.     stripping   Operations   of   One   Company   Averaged.  by- 
Months  Over  a  Period  of  4  Years. 

Some,  figures  have  been  worked  up  showing  a  comparison ,  of 
cost  of  the  two  varieties  of  planes,  taking  a  double  track  plane 
handling  only  the  output  of  two  shovels  which  would  allow  the 
greatest  advantage  of  comparison  possible  to  the  small  hoist. 
The- first  cost  of/ the  small  hoist  job  is  very  low,  as  the  hoist 
itself  is  usually  picked  up  second  hand  around  the  collieries.  It 
would  be  something  as  follows  for  a  300-ft.  length  of  plane: 

'Hoist     ' :.... ..  ■"      J    500 

Tracks,  track  material,  rope,  etc    ... 700 

Grading  for  hoist  and  plane y  000 


Total . 


$2,200 


For  the  double  track  plane  with  the  larger'  hoist  the  figures 
would  be :  ■   ■ 

Tracks,  track  material,  rope,  etc. 


iioi-jvo,   uacn  mareriai,  rope,  etc $1100 

"°'^'     '...'.'.'.'..'.  5!000 

800 

: 3000 

Total    ........'...... - $9,900  ■ 


Hoist  house,  pipe  iin6,  etc.   . 
Grading  for  hoist  and  plane 
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'':  To  operate  the  single-track  plane  two  top-men,  t^o  bottom-men, 
one  locomotive  engineman,  one  hoist  engineman,  four  men  and  a 
boss  on  the  dump,  are  required,  while  the  double-track  plane  would 
require  three  top-men,  three  bottom-men,,  two  locomotive  engine- 

■  men,  one  hoisting  engineman  and  seven  njen  and  one  boss  on  Jhe 
bank. 
The  comparative  cost  would  be  as  follows: 

Single  track  Double  track 

Labor  per  day  $1T.88  $26.21 

Power    4.30  6.48 

Interest  and  depreciation,  15%   1.00  4.00 

$23.18  $36.69 

Figuring  150  cars  for  the  single-track  plane,  4he  operating 
cost  per  car  would  be  $0,155  and  at  300  cars  for  the  double-track 
plane  $0^22  or  a  difference  of  $0,033  per  car. 

The  location  of  the  limits  for  a  stripping  are  set  on  a  line 
where  the  normal  slope  of  the  overburden  figured  from  the  bot- 
tom of  the  final  cut  intersects  the  surface.  Naturally  a  shovel 
cannot  cut  to  any  such  slope  and  must  accomplish  the  same  re- 
sult by  a  series  of  steps.  The  normal  slope  that  earth  of  a  clayey 
nature  will  take  is  about  1  to  1.  Sandy  ground  requires  11^  to 
1  or  even  2  to  1,  while  rock  can  be  cut  nearly  vertically  if  the 
height  of  bank  does  not  exceed  one  shovel  cut.  For  greater 
depths,  %  to  I  must  be  allowed  or  even  1  to  1  if  the  rock  is  of  a 
sKaley  nature.  The  importance  of  having  the  foot  of  the  strip- 
ping slope  well  back  from  the  bottom  rock  of  the  coal,  to  prevent 
the  trashing  of  overburden  into  the  exposed  vein  by- rains,  is  very 
great.  The  standard  width  for  this  ledge  or  berm  is  10  to 
15  ft.  "■        ■  .' 

Prices  of  Non-Revolving  Traction  Shovels.  For  low  bank 
work  in  average  earth,  where  the  amount  to  be  excavated  is 
small,  20  to  35'ton  shovels,  usually  fitted  with  traction  wheels, 
but  Which  can  be'arraiuged  with  railroad  trucks,  cost  as  follows, 
prior  to  the  war :     '         ' 

Shipping  Dipper  i      ;  Clear  height  of  lift  i 

Weight  Capacity  Traction  wheels         R.  R.  trucks  Price 

22  tons  %  cu.  yd.  12'  2"                        13'  2"  $4,760 

32  tons  1^  cu.  yd.  12'  8"           .             13'^  8"                       6,600 

Shovels  of  small  size  usually  have  vertical  boilers. 

A  35-ton  shovel,  with'  a  very  high  crane  which  increases  .the 

width  of  cut  about  7  ft.  and  the  height  of  lift  about  6  it.,  costs 

$S;800i     These  are  regularly  equipped  with  a  l^iyd.  dipper. 

■i    Shoveling  Soft  Shale.     On.  the  P.  C.,&,W.  E..  R.  in  Ohio,  a 

35-ton  Vulcan  traction  shovel  was  employed  in  loading  blasted 
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shale  into  dump  cars,  at  the  time  the  author  was  on  the  work  in 
1903. 

The  material  was  drilled  with  hand  churn  drills,  holes  hemg 
15-ft.  deep.  Each  hole  was  chambered  with  1%  sticks  of  dyna- 
inite  and  exploded  with  7S  lb.  of  black  powder.  About  4  holes  per 
day  were  fired. 

The  shovel  had  a  1%-yd.  dipper.  Six  3-yd.  dump  cars  were 
loaded  in  11  min.     Only  one  train  was  used,  the  shovel  waiting 


■i 


Fig.  i53.     Non-Revolving  Traction  Shovel  with  214-cu.  yd.  Dipper. 

6  min.  while  the  train  wks  hauled  800  ft.  to  the  dump  and  re- 
turned by  a  dinkey.  The  dumping  of  the  train,  one  ear  at  a  time, 
through  the  trestle  occvipied  3  min.  The  locomotive  therefore 
travelled  1,600  ft.  (going  empty  on  an  8  or  10%  grade)  in  3 
min.,  or  at  the  rate  of  about  6  miles  per  hr.  Part  of  the  waiting 
time  is  occupied  by  the  shovel  in  moving,  each  4  ft.  move  requiring 
about  3  min. 

The  force  employed'  was  as  follows: 


1  foreman 
1  shovel  runner 
1  cranema^ 
1  fireman   ■ '  ' ' 
'3  pitmen; 
1  locomotive  runner 


1  bralteman 
1  pumpman 
6  drillers 

1  blacksmith 

2  (pumpmen 


The  shovel  consumed  28  bushels  of  coal  and  the  locomoti-^e  7 
bushels  per  day.  (Note — A  bushel  of  coal  weighs  approximately 
75  lb.)  •   ■  ■  ,   ,  ■-/ 
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About  500  cu.  yd.  were  excavated  in  a  10-hr.  day. 
■    On  another  section  of  this  work  a  65-ton  shovel  waa  operating 
at  a  disadvantage  because  only  one  train  of  6  cars  was  provided. 
The  train  was  Ibaded  in  5  min.,'but  10  min.  were  lost  while  wait- 
ing for  the  return  of  the  empty  cars. 

A  Steam  Shovel  Loading  Wagons.  The  following  is  given  by 
John  S.  Ely  in  Engineering  News,' Jnly  14j  1904:    ,   ,,,,   , 

A  45-ton  Bucyrus  steam  shovel  equipped  with  a  1%-yd.  dipper, 
working  in  soft  material,  excavated  a  cut  8  ft.  deep,  and  22  ft. 
wide.     Dump  wagons  were  loaded  with  one  dipperful  each.     The 


1  Fig.  54.     Marion  Model  250  Stripping  Shovel. 

speed  of  the  teams  ranged  from  160  to  180  ft.  per  min.  The  aver- 
age speed  being  167  ft.  the  haul  one  way  varied  from  1,250  to 
1,500  ft.  and  was  partly  up  hill  and  partly  down.  The  wagons 
were  dumped  without  stopping. 

On  one  occasion  when  the  haul  waa  only  200  ft.,  6  wagons  kept 
the  shovel  busy.,  From  2:40  to  2:441^  P.  m.,  4  wagons  were 
loaded,  then  the  shovelmoved  ahead  5  ft;  in  ^  min.  and  waited  2 
min.  for  a  wagon,  Froni  2:48  to  3:02  V.M.,  27  wagons  were 
loaded  and  then  the  shovel  moved  ahead  5  ft.  in  2  min.  From 
3:05  to  3:10  P.M.,  12  wagons  were  loaded.  Between  2:40  and 
3:10  the  flrsi  wagons  made  2  round  trips.  In  the  above  run 
/about  half  the  time  was  lost  waiting  for  wagons,  there  being 
26  >va,gons.     The  dipper  loaded  at  the  rate  of  3  wagons  per  min., 
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but  allowing  10  min.  out:  of  every  hour  for  mpyingi  forward,  an 
average  of  21^  wagons  per  min.  should  have  been  maintained. 
This  gives  us  this. rule  for  obtaining  the  number  of  wagons  re- 
quired for  steam  shovel  worku  To  obtain  the  number  of  vagons 
multiply  the  haul  in  100-ft.' stations  by  3. 

.  The  cost  of  work  was  as  follows :  1  steam  shovel  runner  at 
$150  per  month,  or  60  dt.  per  hr.;  1  cranesman  at  $125  per  month, 
or  50  et.  per  hr. ;  1  fireman  at  $50  per  month, ;  or  20  ct. 
per  hr. ;  10  pitmen  at  15  ct,  each,  or  $1.50  per  hr. :  11^  tons  of 
coal  per'  da;y  at  $2.20  per  ton,;  or  33  ct.  per  hr. ;  incidentals  at 
about  10  ct.  per  hr. ;  total,  $13.23  per  hr.  of  shovel  time.  Haul- 
ing cost  $6.00  per  day, 

On  the  day  the  record  was  kept  the  shovel  out-put  was  1,043 
wagon  loads,  the  best  day's  record  was  1,078  wagons  containing 
about  1%  eu.  yd.  each. 

Mr.  Ely  believes  the  output  should  be  150  wagons  or  180  cu.  yd. 
(place  measure)   per  hr. 

Large  Revolving  Shovels.  The  largest  steam  shovels  built  are 
of  the  revolving  type.  Machines  weighing  360  tons  are  in  use, 
and  are  sufficiently  successful  to  make  it  seem  probable  that  the 
limit  in  size  is  not  yet  reached.  These  machines  are  chiefly  em- 
ployed for  stripping  the  over  burden  from  ore  and  coal. 

Eig.  55  and  the  following  table  of  specifications  give  an  idea 
of  the  possibilities  of  this  machine. 

TABLE  OF  SPECIFICATIONS  OF  MAEION  COAL  STRIPPING 
STEAM  SHOVELS 

IH  to  1  Slope  of  Spoil  Bank 

MODEL  271 

5- Yd.  Dipper,  90-ft.  Boom 

F 
ISW 

17%' 
17%' 
17V4'    , 

The  dimensions  for  C,  D,  E,  and  F  in  the  above  tables  are  the  limit  for 
j(50i:resj)onding  depth  cover  ou.oi^ribuirden  "  A,"  and  all  operations  must  be 
calculated  to  come  safely  within  them.' 

For  depths  of  cover  or  over-burdeH  less  thai  that  given  in  the  tables,  the 
dimensions  for  CD,  E,  and  F  would  remain  the  same  as  for  the  least  depth 

A.     m  each  table.  ^ 

Thickness  of  Coal  Tein  has  nb  effect  on  the  stripping  ability  of  these  ma- 
chines unless  conditions  other  than  those  above  considered  are  encountered. 

A  360-ton  steam  shoy,el  is  used  for  stripping  iron  ore  on  the 
Mesabi  Range  in  Minnesota.  It  is  equipped'  with  6  to' 8-cu.  yd. 
dipper  and  has  great  reach.  Fig.  56,  taken  from  Engineering  and 
Contracting,  July  17,  1018,  shows  a  cross-section  of  a  single  cut. 
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The  loading  track  was  laid  in  the  surface  of  the  ground  as 
shown  at  A,  and  on  this  particular  cross-section  the  great  shovel 
had  suflScient  reach  to  push  the  accumulated  spill  from  the  cars 
clear  of  the  further  rail  of  the  loading  track.      : 


Fig.  55.    Diagram  Showing  Eeach  of  Large  Stripping  Shovels. 

The  divisions  marked  from  1  to  10  show  the  cuts  that  would 
have  been  necessary  had  the  same  cross-section  been  removed  with 
a  Model  91  shovel  weighing  107  to  123  tons  and  having  a  2% 
to  4-3'd.  dipper,  and  the  loading  tracks  for  the  different  cuts  are 
lettered  from  A  to  H.     Track  A  is  the  loading  track  for  the  first 


U — ; — -—-/a'  — —J 

Fig.  56.     Cross-Section  of  Cut  Made  by  a  Model  300  Shovel  and 
Cuts  Required  to  Remove  Same  Area  with  Model  91  Shovel. 

cut,  track  B  for  the  second  cut,  track  C  for  the  third  and  fourth, 
and  so  on. 

Output  of  Large  Stripping  Shovel. .  Engineering  and  Contract- 
ing, Dec.  20,  1911,  describes  a  large  revolving  shovel  used  for 
stripping  24  ft.  of  over  burden  from  a  bed  of  coal  at  Mission- 
field,  111.  The  shovel  was  made  by  the  Marion .  Steam  Shovel 
Co.  and,  had  the  following  general  ilimensioiis : . 

i      Net  shipping  weight.    ,..'...., 135  tons. 

.     ..;   Apprpximate  working  weight 146  tons. 

Size  of  dipper,  cu.  yd.  —  .'. 3V^ 

Length  of  boom  between  centers  .■- ^ 65  ft. 

ECeight  of  dump  above  rail  (boom  at  45  deg.)...45  ft. 

Radius  of  cut  at  30-ft:  elevation  74  ft. 

'Radius  of  cut  at  bottom  of  pit ..: 55  ft. 

Center  of  dump  from  pivotal  center  66  ft. 

Itadius  at  rear  end  of  cab  from  pivotal  center. 31  ft.  6  in. 
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Hoisting  engine  (double)' ^o'^o*-*^' 

Swinging  engine   (double)    9  k  9  in. 

Crowding  engine  (double)   en  ^      ^^i<7  ** 

1       Boiler,   locomotive  type   • Jin'iu*         ' 

Boiler  designed  for  pressure  of  «2  Jc' 

VVorking  pressure  carried   125  lb.  ; 

The  machine  has  been  handling  1,600  cu.  yd.  per  8-hr.  shift, 
and  is  being  operated  by  men  who  have  learjied  to  operate  it  in 
this  field.  '  For  several  days  the  machine  took  out  more  than 
2,000  yd.  per  day,  and  it 'is  claimed  by  the  builders  that  after  the 
operators  become  expert  the  average  output  should  equal  this 
amount. 

As  to  expense,  the  machine  is  operated  by  1  engineman,  1  crane- 


Fig.   57.     Longitudinal   Section   of  Revolving   150-Ton  Marion 
Steam  Shovel. 


man,  1  fireman,  1  oiler  or  roustabout,  2  track  men  and  1  water 
and  coal  man,  making  a  total  crew  of  7  men.  The  machine  is 
equipped  with  feed-water  heating  and  purifying  system,  which 
reduces  the  coal  consumption  very  materially  and  it  is  operated 
daily  on  about  2  tons  of  coal. 

Large  Revolving  Steam  Shovel  for  Canal  Construction.  Ac- 
cording to  Engineering  and  Contracting,  July  1,  1914,  the  large 
J  size  revolving  steam  shovel,  frequently  used  in  coal  stripping' 
work,  may  be  profitably  employed  in  certain  kinds  of  earth  ex- 
cavation. A  machine  of  this  type  was  used  in  connection  with  an 
inclined  tipple  in  excavating  Section  9  of  Calumet  Sag  Canal,  111- 
An  interesting  feature  of  this  plant  is  its  ability  to  excavate  the 
entire  prism  of  the  canal  at  one  cut  (except  the  solid  rock  at  the 
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bottom)    and  place  the  material  in  the  spoil  bank  at  one  oper- 
ation. 

The  Calumet  Sag  Canal  at  this  point  had  a  bottom  width  of  36 
ft.,  a  depth  of  cut  of  36  ft.  and  slopes  of  2  horizontal  to  1  ver- 


Fig.    58.    Diagram   Showing   Arrangement    of"  Revolving    Steam 
Shovel  and  Steel  Tipple  for  Canal  Excavation. 

tical,  thus  giving  a  top  width  of  180  ft.  There  were  about  6 
or  8  ft.  of  solid  liinestone  in  the  bottom  of  the  cut,  the  remainder 
being  a  glacial  drift  consisting  of  sand,  gravel,  boulders  and 
clay. 

Fig.  58  shows  a  typical  cross-section  of  the  canal  prism  and 


Fig.  59.    Marion  Model  36  Revolving  Shovel. 

the  general  dimensions  of  the  shovel  and  tipple.  The  steam 
shovel  used  was  a  Marion  with  a  3i^-cu.  yd.  dipper  and  a  7.5-ft. 
boom.  The  extreme  height  of  dump  was  53  ft.  above  rails;  ex- 
treme radius  of  dump  83  ft.;   and  the  radius  of  cut  at  34  ^ft. 
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above  rails  waa  88  ft;  The  working  weight  of  the  shovel  was  355,' 
000  lb.  The  tipple  consisted  of  a  cantilever  incline  of  structural 
steel;  which  was  carried  by  two  parallel  stalndard  gage'  tracks 
on  the  canal  berm  With  a  hinged  apron  extending  down  the  slope 
into  the  prism.  On  this  incline  were  two  standard  gage  tracks, 
which  carried  the  two  dump  ears  of  lO-cu.  yd.  nominal  capacity. 
These  oars  were  operated  independently  of  each  other  by  a  double 
cylinder  double  .drum  engine,  with  10^- x  12-in.  cylinders.  A 
100-hp.  locomotive  boiler  furnished  steam  for  the  engine  at  125 
lb.  pressure.  -"-.  * 


Fig.  60.     American  Railroad  Ditcher  Mounted  on  M.  C.  B.  -Trucks. 


The  method  of  operation  was  as  follows:  The  car  was  lowered 
into  the  pit  on  the  inclined  apron  and  filled  with  two  loads  of 
the  3%-cu.  yd.  dipper,  then  hauled  to  the  top  of  the  incline  where 
it  ran  onto  a  steel  tipple  frame,  which  was  hinged  to  the  top  of 
the  incline  by  a  heavy  shaft.  The  car  was  securely  held  on  this 
frame  by  dogs  which  engage  automatically.  As  the  car  reached 
its  position  on  the  tipple  frame  it  released  a  latch  which  per- 
mitted the  frame  with  the  car  to  tip  outward,  thus  dumping  the 
load.  A  pendulum  counterweight,  attached  to  the  tail  of  the 
tipple  fraine  by  a  'wire  ealile,  prevented ;  it  fronl  tipping  too  far, 
and  returned  it  to  its  normal  position  after  the  load  is  dumped. 
The  car  was  then  lowered  to  the  bottom  of  the  incline  by  a  foot 
brake.  While  one  car  was  being  dumped  the  second  car  was  being 
loaded  by  the  shovel;  thus  there  were  no  delays  waiting!  for 
'cars.  .1 
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The 'cqmplete  weight  of  the  tipple  with  ears,  engine,  boiler, 
fuel  and  counterweights  was  approximately  3O0,OOO  lb.,  but  as' 
nearly  all  of  this  weight  was  carried  by  the  rear  truck,' which  ia 
over  80  ft.  from  the  edge  of  the  slope,  no  trouble  was  experienced 
by  caving  of  banks  due  to  the  weight  of  the  machine. 

Railroad  Ditchers  or  locomotive  Crane  Shovels.  These  are  lo- 
comotive cranes  with  a  shovel  boom  hinged  to  the  center  of  the 


1500 


Actual  Working  H6ur§. 
Pig.  6L.     Cost  of  Handling  Material  Vithi*  Double  Ditcher  Train,  i 

mast.     They  are  mounted  on  the  flat  cars  they  load,  or  on  special 
trucks. 

'    Sinifle  Track  Revolving  Shovels.     These  are  built  up  to  40  tpna 

in  weight.     They'  can  load  and  dump  at  any  angle  which  is  of 

advantage  in  loading  wagons  but  riot  at  all  nec^sary  in  loading 

cars  on  a  parallel  aiding.     For  this  reason  most  small  revolving 

' 'sliovels  are  built  with  traction  wheels.'  '  "^"'f'  '  "' 

..,''   Cost  of  Handling  Material  with  Doable  Ditcher  Train.,    In 

• '■•Railway   Maintenance' Engineering  .tTa.6'iollowiiig'ia,ily   coat   of 

'operating  a  double  ditcher  train  is  giVen:  '"' 
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Two  operators  at  ?126  per  month $  9.60  ' 

Two  firemen   ^-''^ 

Interest  on  cars  and  ditchers  •  •  •  4.14 

Depreciation  on  oars  ^nd  ditchers  •  ■  •  j''"  . 

Oil,  waste,   etc |™. 

Coal     : y- 5.00 

Locomotive  coal,  etc ^°"" 

Train   crew    , ^^■'j^ 

Repairs    fW 

Labor  at  $1.60  per  day  ••••  °-''° 

$76.52 

I  i   II  !    I    i  I 

Fig.  62.    Double  Ditcher  Train. 


.»>fT^^AXrt<f=n^Wp',^  =i^^—^^?'^~ 


Conditions.  Train  —  Four  air  dump  ears,  80  cu.  yd.  capacify, 
two  flat  cars,  one  water  car.  Speed  20  miles  per  hr.  Switch  — 
2  miles  to  run. 

Based  on  the  above  figures  and  conditions  the  curves  shown  in 
Fig  61  are  drawn. 

A  Revolving  Shovel  for  a  Brickyard.  Wm.  J.  Spear  gives  the 
following  relative  to  the  work  of  a  Vulcan  No.  1  revolving  steam 
shovel.  The  machine  weighed  28  tpns  and  was  equipped  with  a 
%-yd.  dippei".  The  work  was  the  excavation  of  elay  for  brick 
manufacturing.  The  shovel  was  required  to  dig  only  80  cu.  yd. 
per  day.  For  this  outfit  only  one  man  operates  the  machine 
and  he  fires,  acts  as  engineer  and  trips  the  bucket  door.  The 
.shtovel  loaded  one  %-yd.  dump  car.  This  car  was  pulled  to  the 
brick-yard,  an  average  distance  of  700  ft.,  by  a  horse  driven  by 
a  boy.  The  shovel  loaded  a  second  car  while  the  first  was  being 
hauled  to  the  brick  yard.  The  shovel  worked  10  hr.  and  used 
600  lb.  of  coal  per  day.  Water  was  furnished  for  the  shovel  from 
a  tank  that  supplied  the  briclc  yard  at  a  cost  of  about  7  ct. 
per  day.  One  man  was  nised  to  -keep  the  track  in  condition  and 
to  clean  up  behind  the  shovel  and  around  the  cars".  The  total 
value  of  the  outfit  including  cars  was  a  little  over  $5,100  in 
1908. 

Small  Revolving  Shovels.  The  following  is  from  Dana's 
"  Handbook  of  Construction  Plant."  Revolving  steam  shovels  on 
traction  or  railroad  wheels  are  as  follows: 

Clear  height  of  lift 

Size          Shipping                 Dipper                Traction               R.  R.  1914 

No.            Weight                 Capacity                Wheels               Wheels  Price 

0  15  tons                 %  cu.  yd.                 8'  4"                 9'  $3,750 

1  24  tons                 %  cu.  yd.                10'  6"                11'  S"  6,000 

2  35  tons               IVi  cu.  yd.                10'  6"                11'  6"  6.000 
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Handbook  op  earth  excavation  ■ 


A  No.  1  shovel  of  the  above  type  was  designed  for  general 
use  on  such  work  as  real  estate  development.  For  excavating 
small  sewers  about  3  ft.  wide  and  10  to  16  ft.  deep  a  very 
narrow  dipper  of  i^-icu.  yd.  capacity  and  a  dipper  handle  about 
30  ft.  long  are  used.  ^  In  digging  deep  trenches  in  very,  sandy 
soil  where  many  shifts  from  place  to  place  are  necessary,  and 
where  frequent  curves  are  encountered,  this, shovel  is  not  a  suc- 


64.    Horizontal  Crowding  Motion  of  Erie  Shovel,  Made  by 
the  Ball  Engine  Co.,  Erie,  Pa. 


cess,  but  in  firm  earth  where"  the  sewer  is  long  and  continuous  it 
is  very  efficient.  50  to  75  lin.  ft.  of  trench  4  ft.  wide  and  12  ft. 
deep  have  been  excavated  and  back-filled  in  8  hr.  by  a  machine  of 
this  type.  One  runner,  one  fireman,  and  two  helpers  form  the 
crew.  Platforms  16  ft.  long  of  12  x  12-in.  timbers  are  necessary 
for  the  shovel  to  run  on.  These  being  built  in  four  sections,  each 
4%  ft.  wide,  are  .carried  forward  by  being  hooked  to  the  boom. 
For  excavating  cellars  the  shovel  has  a  standard  dipper  handle 
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with  a  %-yd.  bank  dipper,  and  for  unloading  cars  or  erecting 
steel,  a  crane  boom  25  ft.  long'designed  for  use  with  a  %-cu.  yd. 
clam  shell  or  orange  peel  bucket,  or  a  chain  and  hook.  The  price 
in  1914  was: 


Shovel  with  %  cu.  yd.  dipper  and  30-£t  dipper  handle    $4,550 

Standard  dipper  handle  and  %  cu.  yd.  dipper  '      500 

Crane  boom  without  bucket  475 

A  revolving  shpvel ,  with  a  horizontal  crowding  engine,  which 
enables  it  to  excavate  very  shallow  cuts  economically,  has  inde- 
pendent engines  for  hoisting,  swinging  and  crowding,  and  a  ver- 
tical boiler. 


Size 
Np. 

Shipping  wt. 

Wt.  equipped 

(Tons)       (Tons) 

,  Mounting 

'    'Dipper 
,,.  capacity,, 
(cu.  yd.) . 

1914 
price 

Bated 
capacity 

per,  hr. 
(cu.  yd.) 

0 
1 
Special 

13                15 
26                30'     ■' 
20                20 

Standard 

Gauge  or 

, .  Traction . 

I      ... 
.   '%  , 

$3,750 
5,500 
4,750 

35-4') 
50-60 
40-50 

A  Mired  Revolviiig  Traction  ,  Shovel  Can  Lift  Itself  several 
inches  off  the  ground  so  that  planking  can  be  placed  under  tlie 
wheels.  This  is  done  by  dropping  the  dipper  to  the  grciimd  — 
as  illustrated  in  Engineering  News,  Dec.  28,  1916  —  and  starting 
the  crowding  or  boom  engines,  and  forcing  the  dipper  handle  in 
an  upwai'd  direction.  As  the  dipper  is  placed  flat  on  the  ground 
it  is  impossible  to  force  it  below  the  surface.  Consequently,  when 
the  boom  or  crowding  engines  are  started,  the  shovel  is  forced  to 
rise  off  the  gi*oundi  ' 

Cost  of  Excavating  a  Cellar  with  a  Revolving  Shovel.  Ac- 
coTding  to  Engineering  and  Contracting,  Apr:  15,  1908,  in  digging 
the  foundation  and  cellar  of  a  new  building;  in  Minneapolis;  Minn., 
the  contractor  used  a  steam  shovel  manufactured  by  the  Brown- 
ing Engineering  Co. 

This  Shovel  was  a  locomotive  crane  with  a  dipper  and  dipper 
arm  attached  to  the  boom.  One  advantage  of  thiS' shovel  is  that 
the  boom  angle  is  variable,  being  raised  and  lowered  by  a  lever 
convenient  to  the  engineer's'  hand.  The  dipper  arm  works'  on  a 
shipper-shaft  through  the  boom.  This  allows  the  dipper  to  dig 
both  low  down'  under  the  boom,  and  also  high  up  on  a  baiik. 
In  d,igging  this  cellar j  the  shovel  at  first  dumped  the ;  dirt  di- 
rectly into  the. -w^'agon,  but  afterwards  into  a  hopper, 'under- which 
the  wagons  were  driven  and  loaded.  This  hopper  was 'roughly 
made,  having  no  bottom,  but  it  saved  the  wagon  from  being  hit- 
by  the  dipper,  and  also  ^i'eve'hted  dirt  from  being  spilled  off  (the 
wagon  when  loading]  '  The "  hopper  was  picked  up  and  mo^^adi 
about  as  needed  by  the  crane. 
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Two  men  only  were  needed  to  operate  this  shovel,  the  engineer 
and  fireman;  the  latter  both  fires  and  trips  the  dipper  door. 
The  cost  of  operating  the  shovel  per  day  was  as  follows: 

Engineman,  10  hr $3.00 

Fireman,   10  hr 2.00 

Coal,  %  ton  at  ?4  2.00 

Oil  and  waste   '-■■  0,30 

Total  operating  cost  per  day  $7.30 

The  material  in  this  cellar  was  hard  stiff  yellow  clay,  part  of 
the  time  frozen  from  6  to  10  in.  The  shovel  averaged  400  cu.  yd. 
per  day.  A  further  reason  for  this  small  output  was  a  lack  of 
wagons.  Nevertheless  the  cost  of  loading  the  wagons  was  only 
3  ct.  per  cu.  yd.  and  including  taking  the  shovel  to  another  job 
3  miles  away  the  cost  was  only  5  ct.  per  cu.  yd. 

The  Empire  Engineering  Co.,  of  Montreal,  Canada,  moved  one 
of  these  shovels  over  an  ordinary  wagon  road  a  distance  of 
two  miles,  under  its  own  steam.  Two  sets  of  rails  were  used, 
the  machine  picking  up  the  set  in  the  rear  and  swinging  them 
around  in  the  fi'ont,    The  cost  of  moving  was: 

One  engineman,  3  days  ' $  9.00 

3  laborers,  3  days  at  $1.60  ^ '  14.40 

Fuel , 4.00 

Oil  and  waste .60 

Team  hauling  water,  3  days t.  10,60 

Total $38.50 

This  makes  a  cost  of  $19.25  per  mile,  which  is  very  cheap. 
The  fact  that  the  crane  revolves  cheapens  the  moving  as  well  as 
much  other  work  it  does.  In  moving  ahead  in  the  cut  the  track 
is  moved  in  the  same  manner.  Then,  too,  when  the  machine  has 
cut  to  the  end  of  a  row,  it  does  not  have  to  be  turned  like  a  shovel, 
but  it  revolves  on  its  circle,  and  immediately  begins  digging. 

In  cellar  excavating,  after  the  earth  is  excavated,  the  dipper 
arm  can  be  taken  off,  and  the  machine  used  as  a  crane  for  hoist- 
ing and  erecting,  or  for  pile  driving,  and  for  other  purposes. 

It  can  be  equipped  with  a  clam-shell  bucket,  and  used  for  un- 
loading sand -and  stone  from  cars,  and  also  for  unloading  coal. 

Steam  Shovel  Work  at  Springfield,  Mass.  Mr.  Charles  R.  Gow, 
in  a  paper  published  in  the  Journal  of  the  Association  of  En- 
gineering Societies  for  December,  1910,  gives  some  facts  and  fig: 
ures  coricerning  the  operation  of  a  No.  1  (24-ton)  shovel  of  the 
revolving  traction  type.  This  shovel  was  assembled  at  the  rail- 
road siding  and  transported  about  6^  miles  over  extremely 
bad   roads.     Plank  track ,  was  necessary   and  the  time   occupied 
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was  six  days.  The  cost  of  unloading,  assembling  and  trans- 
porting to  work  was  $255.15..  Tlie  depth  of  excavation  varied 
from  1  to  17  ft.  Part  of  the  ground  was  fairly  easy  and  the 
shovel  excavated  300  to  500  cu.  yd.  per  day,  or  at  the  rate 
of  one  loaded  team  per  min.  while  actually  working.  The  re- 
mainder of  the  excavation  was  in  extremely  hard  ground  with 
many  large  boulders  and  a  shovel  of  60  to  70  tons  would  have 
been  more  economical.  The  yardage  fell  to  100  cu.  yd.  per 
day.  In  the  light  cut  of  1  to  2  ft.  the  dipper  was  crowded 
7  ft.  horizontally,  thus  filling  it  reasonably  full. 

The  cost  of  steam  shovel  excavation  at  Springfield,  Mass.,.  45,-  ■ 
081  cu.  yd.  during  191  working  days,  or  235  ca.  yd.  per  day,  was: 

Cost  of  delivering  and  installing  shovel  $     495.89 

Foreman,   sjipervising   1,668.00 

-  Shovel  operation,  labor  2,113.81 

Shovel  operation,  coal,  oil,  etc 1,487.67 

Total  cost  of  operation  $  3,606.48 

Per  cu.  yd , 0.080 

Repairs,    labor    .\. ;...* $     315.57 

Repairs,    materials    631.14 

Total  cost  of  repairs   $     946.71 

Per  cu.  yd : 0.021 

Pepreqiation  on  shovel  ?  1,758.16 

Teaming  excavated  material   9,692.42 

General  expense,   12.9%    2,344.21 

Grand  total    $20,5U.86 

Total  cost  per  cu.  yd f 0.455 

The  cost  of  repairs  is  exceptionally  high  on  account  of  the 
very  difficult  nature  of  the  work  performed.  Two  new  booms 
were  supplied  by  the  makers  to  tfike  the  place  of  broken  ones, 
the  second  being  of  a  special  design.  Sevra-al  new  dipper  arms 
were  required  and  the  dipper  teeth,  chains  and  ropes  were 
replaced  every  few  weeks. 

A  No.  1  shovel,  working  in  a  cellar  excavation  about  13  ft. 
deep,  loaded  the  nlaterial,  which  consisted  of  pliable  clay  with  a 
few  12-ln.  boulders,  into  cars  drawn  by  a  horse  along  a  single 
track.     The  costs  were  as  follows: 

Wages  of  engineman   i $  4i00 

"  -  Wages  of  fireman 2;00 

Wages  of  one  foreman ■ . .  3.00 

-  - ,     Wages  of  three  labortrs  5.25 

-      Coal     .., f»» 

Oil,   waste,  etc l.MO 

;       Interest,  depreciation  and  repairs  (estimated)   5.30 

Total    *2455 

Cubic  yards  per  day  *10 

Cost  per  cu.  yd •'<'*■ 
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The  Thew  Eevolving  Shovel  i«  ,made  in  the  foUowmg  si^es 


Coal,  daily,  Va. 
One  man  Two  man 


operation 
600, 
600   ' 
1,000   , . 
1,500= 


operation 
1,000 
1,000 
1,600 
2.000 


COSTS  WITH  STEAM  ATSID  ELECTRIC  SHOVELS      323 

The  shovel  is' fui-nished  with  two  forms  of  boom  equipment: 
the  horizontal  crowding  motion  which  possesses  definite  ad- 
vantages: for  Shallow  cut  work;  and  the  shipper  shaft  ofowdihg 
mechaliisml  and  long  dippei'  stick  for  use  where  maximum  operat 
ing  ranges  are  desired. 


Fig.  66.     Horizontal  Crowding  Motion  i  of  Thew  Shovel. 


Excavating  a  Street  with  a  Revolving  Shovel.  Accordingi  to 
Engineering  and  Contracting,  June  9,  1909,  a  No.  0  (15-ton)  Thew 
stejun  shovel  was  used  for  excavating  about  18,000  cu.  yd.  for  the 
repaving  of  Wentworth  Ave.  in  Chicago.  The  cut  ranged  from 
14  to  16  in.  in  depth. 

The  shovel  loaded  directly  into  wagons  and  had  to  wAit  on  the 
wagons.  This  limited  its  output  which,  however,  ran  from  150  to 
300  cu;  yd.  per  8-hr.  day.  The  shovel  was  operated  by  a  shovel- 
man  and  a  fireman.  A  snatch  team  was  used  at  times  to  help 
wagons  out  of  the  pit.  Altogether, the  working  gang  employed  at 
the  shovel  was  8  men.     About  1  ton  of  coal  was  burned  per  day. 

The  success  of  the  shovel  on  this  work  was  due  to  its  f i^ll  circle 
revoltttion  and  horizontal  crowding  motion.  ,. 

Operating  a  Revolving  Shovel  in  Brick  Clay.  Engineering  and 
Contracting,  April  12,  1911,  gives  the  following: 

The  Macon  Brick  Co.,  of  Macon,  Ga.,  used  a  25-ton  Vulcan  re- 
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volving  shovel  for  excavating  about  100  cu.  yd.  of.  brick  clay  per 
day.  ,  , 

The  shovel  is  equipped  with  a  %-yd.  dipper.  'The  dipper  han- 
dle is  12  ft.  long  and. will  dump  12^  ft.  above  the  rail.  ,It  will 
clear  a,  floor  32  ft.  wide  and  make  a  cut  40  ft.  wide  in  a  6-ft. 
bank.  It  swings  through  a  full  circle.  The  Macon  Brick  Co. 
employed  the  following  men  in  their  work: 

1  engineer,  per  day   ..^ $3.00 

1  .helper,   per   day 1.25 

2.'trackmen,  per  day   2.50 

Oil,  waste  and  repairs,  per  day  0.50 

Coal,  600  lb.  per  day 1.05 

Total  labor  and  fuel  $8.30 

The  shovel  is  in  operation  only  a  part  of  the  time  and  could 
furnish  twice  as  much  clay  from  the  8-.ft.  bank  if  the  clay  were 
needed. 

Excavating  a  Building  Foundation  with  a  Revolving  Shovel. 
Engineering  and  Contracting,  July  30,  1913,  gives  the  following: 

In  excavating  for  the  foundations  of  a  reinforced  concrete 
building  in  Boston,  the  Ab^rthaw  Construction  Co.  of  Boston  ob- 
tained 'Qost  figures  which  are  low  for  a  city  job  where  the  hauls 
to  dumps  averaged  over  a  mile.  The  site  was  excavated  to  10  ft. 
deep;  the  digging  was  good;  there  were  no  rocks,  the  material 
being  mostly  cinders^  A  %-cu.  yd.  Thew  steam  shovel  was  used 
and  the  carting  was  done  by  2-horse  end  dumping  Avagons  each 
of  a  capacity  of  2  cu.  yd.;  in  other  words,  each  wagon  had  a  ca- 
pacity of  three  shovelsful.  The  total  cost  of  the  6,976  cii.  yd.  ex- 
cavated, including  excavating,  labor,  teaming  and  dumping,  lum- 
ber for  runs,  and  all  fuel  and  other  expense  in  connection  with  the 
shovel,  was  66.8  ct.  per  cu.  yd.  The  itemized  figures  are  presented 
below :  < 

Excavating: 

Shovel,  25  days %   300 

1  fireman,  25  days  at  $18  per  weelc j 

1  engineer,  25  days  at  $37  per  week (      ^^'' 

1  foreman,  25  days  6  hr.  at  $5  83  f 

2  laborers  trimming,  around  shoyel  at  $2  , 100 

Preparatory  to  shovel  and  other  labor,  during  shovel- 
ing, 411  men  at  $2; ' estimated  10%  at  dump  740;.  <  •,■ 

Miscellaneous  laborers    ..■ 37j      '   , 

$1,489-, 

Excavating  6,976  yards,   21.3  ct.   per   cu.  yd;   does   not  in-) 

elude  runway.  i 

,,    Hauling  and  Dumping:  . 

481  teams  at  $6  $2,886/   ' 

Foreman,  32  days  at  10  hr.  at  $5  : i 176 ' 

.  Laborers    '. .  * 82  I 

-  Lumber   for   runs    31 .' 

$3.175.r.  .  . 

/ 
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Teaming  and  dumping  6,976  yd.  cost  45%  ct.  per  cii.  yd. 

Total  cost  per  yd.  of  excavating,  teaming  and  dumping  was 
66.8  ct. 

Revolving  Shovel  Working  Excavating  Macadam.  James  L. 
Kehoe,  describing  a  pavement  job  in  Nawburgh,  N.  Y.,  in  Engi- 
neering and  Contracting,  July  8,  1914,  says: 

Old  macadam  was  encountered  on  the  section  of  street  having 
no  car  tracks,  on  the  remainder,  gravel  and  hardpan.  Owing  to 
the  short  time  allowed  to  complete  the  work,  together  with  the 
hard  cutting  it  was  deemed  advisable  to  use  a  steam  shovel. 

On  the  old  macadam  section  a  No.  0  (15-ton)  Thew  steam 
shovel  of  the  traction  type  was  placed  in  the  center  of  the  street 
loading  from  both  sides  into  V^  and  2-cu.  yd.  dump  wagons. 
Cuts  averaged  from  12  to  18  in.  deep  at  the  center  line,  and  4 
to  6  in.  at  the  curb.  A  level  cut  to  grade  was  made  by  the  shovel 
across  the  street  for  a  width  of  25  ft. 

The  material  near  the  curb  was  piled  in  front  of  shovel  by 
means  of  buck  scrapers  working  evenings,  or  before  starting  in 
the  morning.  In  this  way  the  shovel  always  had  enough  material 
to  load  all  teams  for  the  first  trip  without  loss  of  time. 

Owing  V>  the  shallow  cutting  the  shovel  was  moved  up  about 
every  5  ft.  and  when  there  were  no  teams  to  load  the  shovel 
kept  crowding  ahead  piling  material.  The  average  loading  time 
for  a  1%-cu.  yd.  wagon  was  1  min.  Fifteen  teams  averaged  250 
cu.  yd.  per  day  of  material  hauled  from  the  shovel. 

On  the  hardpan  and  gravel  section  the  shovel  was  placed 
between  the  trolley  tracks  and  curb,  loading  across  the  tracks 
into  side  dumping  trolley  cars  and  dump  wagons.  On  account 
of  the  boom  on  the  shovel  having  only  a  few  inches  clearance  from 
the  trolley  feed  wire,  two  extra  men  were  employed  to  raise  and 
lower  the  wire,  using  notched  poles.  As  the  traction  company 
maintained  a  25  min.  schedule  some  time  was  lost  by  the  shovel 
on  account  of  the  wire  being  raised  and  lowered  so  often.  Earth 
between  the  tracks  was  plowed  with  a  heavy  rooter  plow  hauled 
by  a  trolley  car,  the  shoe  on  the  plow  being  ,^et  so  that  the  point 
just  cleared  the  ties.  This  loosened  material  was  shoveled  to 
one  side  by  hand  and  left  for  the  shovel  to  load.  On  this  sec- 
tion some  hard  shale  was  found  about  6  in.  below  grade,  but 
the  shovel  had  no  trouble  cutting  through  it.  Many  predictions 
of  failure  were  heard  from  the  "  sidewalk  inspectors,"  but  after 
the  shovel  had  scooped  several  dippers  of  macadam  they  were 
convinced  that  it  would  excavate  the  entire  street.  Water,  for  the 
shovel  was  piped  in  the  same  manner  as  for  the  mixer>  a  %-in. 
T  being  placed  every  50  ft. 
A  fine  grading  (or  trimming)  gang  of  ten  men  followed  closely 
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behind  the  shovel  grading  to  stakes  set  from  a  gradfe  line  stretched 
from  curb  to  ciirb.  About  600  sq.  yd.  of  fine  grading  was  the 
average  per  day. 

Street  Grading  with  ,a  Revolving  Shovel  in  Los  AngeleSi  The 
Eweaivating  Engineer,  June,  1914,  describes  a  grading  job  on 
which,  despite  the  shallow  cutting,  a  small  revolving  shovel  was 
used'  to  splendid  advantage.  The  total  yardage  amounted  'to 
23,016  cu.  yd.,  bank  measure,  which  was  handled  between  March 
10th  and  April  25th,  39%  days  in  all,  including  Sundays; 

The  shovel,  which  was  an  18^B  Bucyrus,  equipped  with  a  ^-yd 
dipper,  buriied  fuel  oil.  12  tanks,  or  10^080  gallons  were  con 
sumed  during  this  period.     The  oil  cost  $12  a  tank. 

Throughout  the  entire  job,  Sundays  were  regularly  devoted  "to 
washing  out  the  boiler,  cleaning  the  flues  and  making  sundry 
repairs,  which,  doubtless  accounts  to  a  large  degree  for  the  reg- 
ularity of  the  output.  Although  the  greater  part  of  the  material 
was  'Classified  as  earth,  there  was  over  7,000  yd.  of  rock  and  sand- 
stone, besides  2,300  yd.  of  hard  adobe  clay,  which,  naturally  cut 
down  the  capacity  of  the  shovel  considerably.  i 

The  following  data  are  given  for  the  performance  ■  of  this 
shovel:-  '  .-■'  '  ' 

Total  yardage, '.(bank  measure)    23,016.  cu.  yd. 

Total  time  unte  steam  3VA  days. 

Lost    time    including    delays    for    moving,    blasting,    re-    23^  hr. 

pairs,  etc ,. . ,., 67.8  cu.  yd.. 

Average  yardage  per  hr.  working 63.4  cu.  yd. 

Average  yardage  per  hr;  under  steam  including'  delays.  (  '  735  wagons 

Maximum  output  per  11-hr,  day  bank  measure  ,. .  i     1,000  cu.  yd. 

Cost  of  labor  and  fuel  3.3  ct.  per  cu.  yd. 

The  best  week's '  output  was  perhaps  the  first  week  in  April,  the 
record  of  which  shows  that  4,649  wagons  were  loaded  with  6,.'?00 
cu.  yd.  of  material  in  75  working  hr.,  giving  an  average  of  84 
Cu.  yd.  per  hr.  including  delays. 

It  inight  be  interesting  to  note  that  after  the  completion  of 
this  job,  the  shovel  was  moved  a  distance  of  about  7  miles  in 
21/^  hr.  by  the  use  of  two  five-ton  automobile  trucks.  The  pro- 
pelling was  done  entirely  by  the  trucks  at  a  cost  of  $2.25  per  hr. 
pertruck.  ■ 

Basement  Excavation  with  Revolving  Shovel.  Professor  A.  B. 
McDaniel,  in  Engineering  Record,  June  16,  1915,  describes  methods 
einployed  and  gives  detailed  costs  of  excavation  for  two.  build- 
ings.    The  following  Is  an  abstract  of  his  article: 

Case  1  —  Steam-Shovel  Excavation.  A  steam  shovel  was  used 
in  excavating  for  the  first  building,  which  is  being  constructed 
for  the  Dennison  Manufacturing  Company,  of  South  FarminghaAuj 
Mass,     The  building  is  rectangular  in  form,  70  ft.  x  159  ft.  5  in,, 
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with  tvco  projecting  stair  towers  and  a  toilet  tower.;  The  general 
plan  of  the  building  is  shown  in  Fig.  67.  ,  . 

The  soil  excavated  was  a  fine,  clean,  siliceous  sand,  in  beds 
from  3  to -7  ft.  in  depth,  and  separated  by  strata  of  yellow  clay, 
of  a  depth  of  1  or  2  ft.  The  excavation  was  carried  down  to  a 
gravel  subsoil,  upon  which  the  footings  were  placed.  The  depth 
of  excavation  varied  from  8.2  to  10.5  ^t.  > ; 


Path  of  Steam  Shovel. 


The  (excavated  material  was  used  to  fill  up  two  low,  swampy 
tracts  of  land  which  were  located  atput  %  mile  from  the  site  of 
the  building.  , 

Method-  of  Excavation.  A  new-'  Thew  Automatic  revolving 
steam  shovel,  type  0  (18-ton),  equipped  witli  a  %-yd.  dipper, 
was  used  for  the  bulk  of  the  gxcavatibn.  The  manufacturers 
furnished  an  expert  engineer  who  set  up  and  operated  the  ma- 
chine for  several  days,  during  which  time  he  broI<e  in  a  "  green 
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hand "  as  the  runner.  '  The  latter   operated   the  shovel   without 
aid  or  supervision  during  the  last  ten  days  of  the  work,. 

The  shovel  hegan  operations  near  the  southwest  corner  of  the 
building  plot,  arid  excavated  a  cut  abo.t  15  ft.  wide  on  a  de- 
scending grade  of  about  10%.  As'  the  shovel  approached  the 
northeast  corner  of  the  plot  it  reached  the  finished  grade,  which 
was  about  10.5  ft.  below  the  original  ground  surface  at  this 
point. 

Path  of  Shovel.  The  path  of  the  shovel  is  shown  by  the  dash 
line  in  Fig.  67.  The  east  side  of  the  excavation  was  completerl 
first,  as  it  was  desirable  to  construct  the  footings  and  erect 
the  basement  column  forms  along  this  side,  adjacent  jto  the  mixer 
plant  and  pouring  tower,  as  early  as  .possible.  While  the  shovel 
was  excavating  in  a  southerly  direction  along  the  east  side,  a  slip 
scrtiper  was  used  to  cut  an  inclined  road  from  the  north  gate .  on 
Grant  Street,  along  the  north  side  of  the  plot,  and  curving  and 
descending  on  a  grade  of  about  6%  to  the  bottom  of  the  exca- 
vation near  the  north  end  of  the  toilet  tower.  After  the  shovel 
had  started  on  its  second  trip  along  the  plot  the  wagons  came 
in  at  the  south  gate  on  Grant  Street,  passed  down  the  incline 
along  the  south  side  of  the  plot,  around  the  east  side  of  the 
shovel,  where  they  loaded  and  passed  up  the  north  incline  and  out 
the  north  gate  on  Grant  ^treet,  to  the  dump. 

Support  for  Shovel.  On  account  of  the  loose;  character  of  the 
soil  and  the  inflow  of  water  when  the  excavation  reached  grade, 
it  was  necessary  ta  support  the  shovel  on  planking.  A  movable, 
sectional,  platform  was  built  of  4  x  8-in.  timbers,  bolted  together 
to  form  sections  3  ft.  wide  and  12  ft.  long.  Four  of  these  sec- 
tions were  used  on  straight  stretches,  and  two  triangular-shaped 
sections,  half  the  size  of  the  rectangular  sections,  were  employed 
on  the  turns.  Near  the  center  of  both  ends  of  each  section  was 
placed  a  heavy  iron  eye  by  means  of  which  the  section  could  be 
shifted  around  with  a  chain  attached  to  the  dipper  arm. 

Neglecting  time  lost  through  breaks  in  machinery,  inclement 
weather,  etc.,  the  shovel  was  excavating  about  60%  of  the  work- 
ing time.  Special  effort  was  made  to  keep  the  shovel  always 
supplied  with  wagons  to  load,  and  very  little  delay  was  occasioned 
from  waiting  for  teams.  From  two  to  three  shovelfuls  were  re- 
quired to  load  each  wagon  to  an  average  capacity  of  about  1% 
cu.  yd.  (loose  measurement).  On  account  of  the  looseness  of  the 
material,  the  average  shovelful  was  about  i^  cu.  yd.  Based  oh'  a 
large  number  of  observations,  the  average  time  to  make  a  com- 
plete dipper  swing  was  26  sec.  and  the  minimum  time  was  18  sec. 
The  average  time  to  load  a  wagon,  with  three  swings,  was  1 
min.  46  sec,  and  the  minimum  time  was  1  min.  21  sec! 
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Labor  and  Fuel  Costs.  The  labor  crew  consisted  of  one  toter 
man,  one  engineman,  one  fireman  and.  two  pitmen,  or  laborers. 
Following  is  a  schedule  of  labor  expenses  per  day  of  9.  hr. : 

1  foreman  at  $6  per  day  , {  6.00 

1  enginemanat  $0.45  p^r  hr^   ; 4.05 

1  fireman  at  $0.30  per  hr 2.70 

2  pitmen  a(  $2,03  per  day  4.06 

Total  laljor  cost  per  .9-hr.  day $16.81 

Water  was  ^vpplied  to  the  boilers  through  a  rubber  hose,  Coal 
and  coke  were  hauled  thrice  daily  from  sf,  pile  on  the  east  siije 
o^  the  excavation  and  shoveled  into  a  large  wooden  Wnter  built 
on  the  rear  of  the  machin^.  The  fuel  cost  for  the  operation  of  the 
shovel  for  J 7  days  was  as  follows: 

7  tons  coal  at  $6.25  $43.75 

1  ton  coke  at  $6.75 ^ 6.75 

Total  cost  of  fuel   $50.50 

The  e3Ecavation  was  leveled  up  and  made  closely  to  grade  by 
the  use  of  a  slip  scraper,  which  wa§  attached  by  a  chain  to  the 
dipper 'handle.  This  work  was  done  as  far  as  praeticable,  during 
the  short  periods  of  waitiiig  ^or  wagons,  at  the  beginning  and 
end  of  each  half  day's  work. 

The  hauling  away  of  the  excavated  material  was  done  by  rear 
dump  carts  hauled  by  two  horses.  These  carts  had  a  rated 
capacity  of  1  eu.  yd.,  and  were  generally  filled  by  three  dipper- 
fuls  to  a  capacity  of  1'^^  cu.  yd.  Care  was  taken  to  place  the 
bulk  of  the  load  over  the  rear  axle,  so  as  to  facilitate  the  dump- 
ing. From  8  to  14  teams  were  used  and  the  latter  number 
proved  to  give  the'  most  efficient  operation  of  the  shovel.  The 
average  haul,  was  1,800  ft.  '.  The  teams  were  run  continuously  in  a 
circuit,  and  except  for  a  short  distance  (about  200  ft.)  the 
loaded  teams  were  not.  allowed  to  pass  the.  unloaded,  teams. 
B^jnching  of  the  teams  was  largely  eliminated  by  careful  supervi-, 
sion  of  the  dumping  and  the  movement  of  the  carts  along  the  road. 
A  decided  tendency  to  lag  was  noticed  each  day  during  the  last 
hour  of  work.  Some  drivers  would  stop  work  during  the  last 
half  hour  if  they  thought  that  another  load  would  take  until 
after  S  o'clock  to  dump.  In  the  morning  several  teams  were  usu- 
ally late  in  arriving  at  the  shovel  for  the  first  load.  In  order 
to  eliminate  these  time  losses,  at  the  end  of  the  first  week's  work 
a  bonus  of  25  ct.  was  offered  to  each  driver  who  made  24  trips 
per  day.  During  the  first  day's  work  under  the  bOlius_plan  one 
man  made  25  trips-,  four  men  made  24  trips  and  seven  others 
raised  their  previous  day's  record  by  one  trip.     After  a  study  of 
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this i  result  a  bonus  schedule  was  eslablisheTi  as  follows:  25  >ct. 
per  day  per  man  for  24  trips;  40  ct.  per  day  pfer  man  for  25 
trips;  50  ct.  per  day 'per  man  for  26  trips.  ' 

The  average  n-umbe^  of  trips  per  day  per  team  for  the  last 
full  day's  work  (July  22)  was  nearly  25.  Several  teams  made 
26  trips  per  day. 

TiMe  Records.    A  timekeeper  stationed  near  the  building  site 
kept  a  record  of  the  time  that  each  team  entered  the -south  gate, 
and  left  the  north  gate.     This  repord  served  to  show  the  character 
and  length  of  delays  in  the  yard,  such  as  loss  of  time  in  pulling 
up  to  shovel,  and  delay  at  the  shovel.     The  dump  foreman  kept 
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Pig.  68.     Shovel  Haul  and  Bump  Costs. 

a'  record  of  the  time  of  arrival  of  each  team  at  the  dump,  and 
also  of  a,riy  delay '  in  dumping  and  leaving  the  dump.  The 
watches'  of  the  yard  timekeeper  and  the  dump  foreman  were 
synchronized  daily.  At  the  end  of  each  day's  work,  the  two  rec- 
ords were  compared  and  a  study  was  made  to  determine  the  num- 
ber, character,  length  and  cause  of  all  delays,  the  inefficient  teams, 
the  proper  size  and  distribution  of  the  load  in  the  carts  for  effi- 
cient hauling  and  dumping. 

The  average  length  of  haul  was  1,800  ft.  The  average  time 
to  make  a  round  trip  was  about  21.5  min.,  and  the  minimum  time 
was  15  min.  '  Each  of  the  two  dump  sites  was  a  low,  swampy 
basin  which  it  was  desired  to  grade  up  to  the  level  of  the  ad- 
jacent streets.     The  fill  at  each  site  was  made  at  two  points 
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aii&ultaneously  and  was  built  out  from  firm  spil  by  rear-dumping 
from  platforms.  These  platforms  were  made,  of  several  ( sections 
of  2  X  12-in.  ^planks  16  ft.  long,  cleated , together  on  the  ]mieT  side. 
As  the  dump  was  carried,  out  the  i  sections  of  pla,tform  were  moyed 
ahead.  Railroad  iaes  were  used  as  dumping  blocks.  To  facilitate 
the  dumping,  especially  when  the  sand  and  clay  was  w.et  and 
sticky,  the  drivers  greased  the  main  axle  trunnions  and  salted, the 
inside  surfaces  of  the  carts  each  morning  before  starting  work. 
The  depth  of  fill  varied  from  0  to  7  ft. 

The  labor  used  in  operating  the  dump  during  the  first  week 
consisted  of  a  foreman,  a  sub-foreman  and  four  laborers.  This 
force  was 'gradually  reduced  to  a  foreman  and  three  laborers 
during  the  last  four  days  of  work.  Thus  an  economy,  of  30% 
was  effected  during  the  time  that  an  increased  output  of  16% 
occurred.  Fig.  68  and  the  following  table  give  a  summary  of 
the  total  daily  and  the  unit  costs  for  the  various  divisions  of  the 
work  and  the  job  as  a  whole. 

Cost  per 

Total  cost  cu.  yd. 

Labor  at  shovel '.' $    262.31  $0.0515 

Labor  at  dump ....;.:!.. :........ 236.53  0.0464 

Labor,  on  roads  .and  indin^es,  .,. 18,90  :  0.0037 

Teams  and  hauling 1,058.59  0.20TS 

Supfeinteridence,   etc :.:;...■..:.... : 150.00  0.0294 

Lumber  ior  inclines,,  platforms,,  etc..  ....,., ■■-         250jOO  .    0.0491 

Unloading,     setting    .up,     dismantling     and'    loading 

shoVel     .'.......°..'..;'...^...... :.....■...... ';...'.'.;...         179.0B  0.0361 

Rental  of  shovel  ,.i ■ ....,.,„....         390.00  jO.0765 

Coal,  oil,  waste,  repairs,  etc 66.60,  fl.0l3l 

Total  (17  days) : ,.,....    ?2;611.98  J0.5126 

•  Based  on  total  computed  excavation  (place  measurement)  of  5,095  cu.  yd. 

r  A  somewhat  slipilar,  building  excavating  job  is  described  by 
Professor  ,Mci)aniel  ,in  this  same  article.  Wheel  and  drag  scrapers 
were  used,  also  dump  ,c^rts  loaded  by  ,han,d,^  The  final  average 
unit  cost  was  $1.10  per  cu.  yd. 

Cost  with  a  Thew  Shovel  on  Street  Work.  A  description  of 
the  -work  of  3  revolving,  shovels,  one  with  a  %-yd.  dipper  and  two 
with  %-yd.  dippers,  used  in  street  grading  in  Minneapolis  during 
1S14,  is  given  by  Prof.  A.  B.  McDaniel,  in  Engineering  Record, 
July  31,  1915.  The  material  excavated  was  ordinary  earth  and 
underlying  glacial  .clay.  On  ordinary  grading  work,  with  an  aver- 
age haul  of  300  ft.,  the  cost  of  excavation,;  hauling,  and  dumping, 
was  15  ct.  per  oil.  yd.  with  1^-yd.  wagons,  and  11  ct;  per  cu.  yd. 
with'  cars.   ...        ,  .,■; ,;  ■  ...■  .  ,,    ■■     .  • 

,_An  18-ton  revolving .  shovel  ( Thew )  with  a  %-yd,  dipper  was  used 
in  excavating  hard,  dense  day  of  the  street,  surface.  This  ma- 
terial was  mixed  with  ibo.ulders..    The  use  of  a  he^vy  pavement 
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plow  had  been  found  to  be  impracticable.  The  average  cut  was 
1  ft.  The  excavated  earth  was  dumped  into  Ijj^-yd.  bottom-dump 
wagons.  The  cost  of  excavation  under  average  working  condi- 
tions per  8-hr.  day  is  given(  below.  An  average  hourly  excava- 
tion of  31.25  cu.  yd.  was  obtained.  The  cost  does  not  include 
the  cost  of  hauling  the  material  to  the  dump  or  of  taking  care  of 
it  after  it  has  reached  there. 

1  engineman    -^ $6.00 

1  fireman     2.50 

2  laborers,   at  $2.50 5.00 

Total  labor  cost   ..., $i3.50 

Coal,  Vz  ton,  at  $6  $  3.00- 

Oil,,  grease  and  waste "0.15 

Repairs  and  overhead  charges  1.05 

Total  fuel  cost   $  4.20 

Total-  cost  of  excavating  250  cu.  yd $17.70 

Cost  of  excavation  of  1  cu.  yd $0.07 

Another  Thew  revolving  shovel  equipped  with  a  %-yd.  dipper 
was  used-  for  street  grading  in  Lexington,  Kentucky.  The  ma- 
terial excavated  was  a  packed  clay  and  loam  surface.  In  60  hr., 
exclusive  of  the  time  lost  because  of  delays  and  causes  foreign  to 
the  work,  1,445  cu.  yd.,  "  place  measure," '  were  excavated.  The 
depth  of  the  cut  was-  10  in.  The  total  length  of  excavation  is 
1,788  ft.  The  number,  of  teams  used  was  10.  The  average  exca- 
vation per  hr.  was  24  cu.  yd. 

In  Ogden,  Utah,  another  Thew  revolving  shovelj  with  a  %-yd.. 
dipper  was  used  in  street  pavement  Work.  The  contract  included 
thi  removal  of  22,500  sq..yd.  of  concrete  pavement,  10  in.  thick. 
The  shovel  removed  9,  section  of  concrete  600  ft.  long  and  20  ft. 
"wide  each  working  day.  The  loading  of  teams  was  delayed  on 
account  of  the  frequent  passage  of  street  cars.  The  cost  of  this 
\york  was: 

1  'foreman    .".;... .".... $  4.50 

1  engineman 7.00 

1  fireman     " 3.00 

2  pitmen,  at  $2   .. : 4.00 

5  teams  and  drivers,  at  $5  25.00. 

Total  labor  cost   $43.50 

Cost  of  excavation  per  sq.  yd $0.03 

^      Cost  of  excavation  per  Qu.  yd 0.11 

In  a  fourth  case,  a  Thew  revolving  shovel,  equipped  with  a 
%-yd.  dipper,  was  used  in  1912  for  the  removal  of  macadam 
surface  on  a  section  of  a  street  in  St.  Louis.  The  street  was 
28  ft.  wide  and  the  macadam  was  13  to  18  in.  thick.     The  total 
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excavation  was  2,915  cu.  yd.  loose  measure,  made  in  a  total  oper- 
ating time  of  94  hr.,  an  average  of  7.8  hr.  per  day  for  12  days. 
The  average  excavation  was  31.9  cu.  yd.  per  hr.  of  actual  working 
time.  • 

The  following  is  the  output  to  be  expected  of  a  revolving'  shovel 
in  shallow  excavation.  This  table  is  based  on  the  use  ,of  an  18-ton 
revolving  phoyel,  equipped  with  a  %-yd.  dipper,  efllciently  oper- 
ated. The  outputs  are  based  on  62  observations  under  the  con- 
ditions named. 


-Classification. of  material  - 


T)epth  of          Loose  earth  Packed  earth  Hardpan  Favemeiits 

cut  in  in.  '      Yardage  Yardage  Yardage  Yardage 

18         360  280         ^25  300 

12         300  240         175  '  250 

9         250  200         150  "200 

6         200  150         100  150 

Cost  of  Hevolving  Shovel  Work  in  Bead  Grading,  California. 
J.  B.  Bonersmith,  in  Engineering  and  Contracting,  July  19,  1916, 
gives  the  following:  " 

The  work  described  was  on  the  Califorjiia  State  Highway  be- 
tween Tormey  and  Eckley  in  Contra  Costa  County,  California, 
and  was  done  in  1915.  The  road  graded  was  four  miles  in  length 
and  contained  72,000  cu.  yd.  of  excavation  through  a  rather  rough 
country.     The  material  consisted  of  earth,  soft  and  hard  shale.    ' 

The  method  of  work  was  as  follows:  After  the  culverts  were 
constructed,  two  fresno  gangs  (each  gang  having  a  'six-horse 
plow  and  from  four  to  six  fresnos)  were  started  and  made  the 
fill  over  the  culverts;  also  moved  the,  dirt  in  all"  cuts  where  the 
hauls  were"200  ft.  and  less.  A.Model  31  Marion  Revolving  Shovel 
(28-tons  shipping  weight, .1  cu.  yd.  dipper)  followed  the  fresno 
gangs  and  loaded  all  the  material  that  had  to  be  hauled  into 
dump  wagons.  The  number  of  wagons  varied  from  six  to  twelve. 
Behind  the  steam  shovel,  a  small  fresno  with  four  muckers  did 
all  the  finishing  wtirk.  ,     ,. 

The  road  was  graded  to  a  width  of  21  ft.  and  through'  the 
thorough  cuts  the  shovel  had  to  tiirn  through  a  full  180°.  On 
this  work,  the  average  output  of  the  shovel  for  an  W-hr.  day  was 
375  cu.  yd.,  as  there  was  considerable  loss  of  time  in  spotting 
the  wagons ;  but  where  the  dipper  was  swinging  only  through  90°, 
it  handled  510  cu.  yd.  The  local  water  was  the  cause  of  some 
delay,  and  since  the  water  is  a  very  serious  question  iri  the  cost 
of  equipment  on  any  job,  we  now  make  it  a  rule  to  have  the  water 
analyzed  and  the  proper  boiler  compound  on  hand  before  the 
shovel  starts  to  work. 

Rentals  per  day:  Horses  rented  to  job  at  $1.25  per  working 
day;    fresnos,   wagons,  "etc.,   at   $0.25   per   working  day';    wagon 
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and , fresno.  driver,  at  $2.50  per  day;  Marion  steam  shovel,  includ-, 
ing  fuel,  runner,  etc.,,  $50  per  day.  ,  These, costs  of  equipment  are 
used' on  aM  our  worlf,  as,  we  have  found  frpm|many  yea,rs  of  ex- 
perience that  it  is  the  -only  '  way  we  can  arrive  at  a  true  cost! 
Take  I  the  shovel  as  an.  example;  its  rental  is  based  on  the  fol- 
lowing charges: 

First  cost,   {8,200;   life   of  shovel,    1,000   working '  days   in  six  years; 

'  i '  Best  ■ '  'per'  ■  v  diy  ^  "..-.  i ..'.  r.  rj  ■.;..'., ' ......:..;:;...,; '.  j .  f  8, 25 

6%  interest  on  $8,200  for  three  years,  $1,476;  interest  per  day  .., 1.48 

Repairs    (when  the  shovel  is   broken   down  the  engineers',   firemen,  '' ' 

etc.,  time  is  charged  to  repairs) ,  per  day  .  .^ 2.00 

Freight,  , knocking  dowji,  etc.   (this  cost  was  arrived  at  by  tjost  kept 

on..anpther  shovel),  per  day  /..:,... J....... ,.. "r  '3.00 

Fuel,  ^  ton  of  coal  per  wprking  day  at  $12  per  ton'-^.'. : '    9.00 

Water,  T^agon  with  four'  horses  and  driver,  per  day  .'.';• 7.75 

Water  aiid  oil,  per  day' :.'. ..-. '.'' ^.85 

Engineer,,  per    day    . ''. ^..,... " 6.75 

Fireman',.',  .per     day    ' 3.00 

Two  pitmen  at  $2.50  per  day  5.00 

Iricidfentais  . . ..'..  i>. . ; ; . . .'. .  li. .?.,?. i : ,  ^92 

.    Total  cost  per  day :.;.........:..... ;.. $50.00 

Following  is  the  total  cost  of  the.  above  mentioned  grading,  of 
the  State  Highway  between  Totmey  and  Eckley,  72,000  cu.  yd.: 

Horses,  8,756  days  at  $1.25  per  day  ■. ,  $10,945.00 

Equipment^  1,842  days  at  25  ct.  per  day 460.50 

Driver  labor,  1,842  days  at  $2.50'  jier  day  4,605.00 

Steam  shovel,  104  days  at  $50  per  day.! ••  5,200.00 

Foreman,  120  days  at  $5  per  day  600.00 

Timekeeper,  "4  montbs  at  $75  per  month  300.00 

Muckers  and  slopers,  500 -days  at  $2.25  per  day 1,125.00 

Muckers,  slopers,  etc.,  '12  days  at  $2.50  per  day  530.00 

Purchases  (picks,  shovels,  lanterns,  oils,  etc.)   182.60 

Insurance    ; .. .; :^ ^ 280.00 

Total    cost    :..: •■ '24,mKI 

Cost  per  cu.  yd ' '• .•-, ••••       33,j^ct, 

Revolving  Shovel  on  Road  in  Oregon.  In  Engineering '  an4 
Contracting,  June  7,  1916,  N.  J.  Chapman  describes  a  notable  ex- 
aihplei  of  road  grading.  The  work  ^as  in  Klamath  County, 
Oregon,'  overlooking  Klamath;  Lake;  and,  was  part  fif  a  9-niile 
road,  about  7%  miles  of  which  were  light  e^;rth\^^ork,  which  was 
performed  with  teams  and  scrapers.  The  remaining  1%  miles 
were  steam  shovel  sidehill  cutting  around  Rattle  Snake ,  Point 
and  having  a  grade  of  about  3%.  The  cut  was  made  with  a  side 
slope  of  1  on  11^'  and  wide  enough  to  give  a  20-ft.  roadway  out- 
side the  ditch.  This  cutting  gave  a  yardage  per  lineal  foot  of 
road  of  from  5  to  8%,,cu,  yd.  The  material  consisted  of  loose 
boulders,  which  had  slid  down  the  mountain  side,  overlying  in 
places  cemented  gravel,  cinders,  chalk  rock  and  solid  ledge. 
All  had  to  be  blasted. 
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The'general  method  of  work  was  to  blast  and  excavate  with 
steam  shovel,  casting  the  spoil  down  hill  to  form  embankment.' 
A  4-in.  duplex  pump  operated  by  a  6-hp.  Fairbanks-Morse  gasoline 
^n^e  was  set  12  ft.  above  lake  level.  A  2i^-in.  suction  pipe  was 
used.  The  delivery  pipe  was  2  ini' in  diameter  and  650  ft.  long 
and  delivered  up  hill"  to  a  tank  located  above  all  parts  of  the 
work.  Froift  this  storage  tank  the  water  was 'piped  to  the  steam 
shovel  and  camp.  To  provide  the  daily  supply  the  pump  had  to 
be  operated  about  one  holrf.  '  For  the  drilling,  a  10-hp.  Sullivan 
air  compressor  driven  by  a  6-hj).  Fairbanks-Morse  gasoline  engine 
was  mounted  .on  skids  back  of  the  shovel  and  the  air  pipe  ahead 
to  two  Littlg'  Giant  rock  drills.  One  team  could  move  the  com- 
pressor plaiit  ahead  1,000  .  ft.  and  set  it  up  ready  for  work  in 
30  mio. 

The  steam  shovel  was  a  No.  14B  (20-ton)  revolving  Bucyrus. 
The  crew  worked  on  and  about  the  shovel  consisted  of  ail' engine-  - 
man,  a  fireman,  a  pitman  and  a  wood  and  water  man.  The 
.shovel  graded  7,884  liji.  ft,  at  an  average  irate  of  about  60  ft. 
per  day.  The  total  operatipg  cost,  including  laibor,  oil,  repairs, 
fuel  and  lights,,  but  excluding  interest,  depreciation  and  overhead 
charges,  was  $6,480,  or  about  12  ct.  per  cu.  yd.  Finishing  behind 
the  shovel  was  done  by  hand  and  it  usually  took  three  men  per 
day  to  finish  up  in  good  shape.  The  cost  of  finishing  was  3  ct. 
per  eu.  yd.,  based  on  the  total  yardage  handled  by  the  shovel. 

Blamng  ahead  of  the  shovel  cost  more  than  solid  rock  would 
have  cost,  because  the  drills  could  not  be  used  in  all  material. 
In  many  places  "coyote"  holes  6  in.  in  ^i^m^ter  aiid  20  ft.  into 
the  bank  had.  to  be  drilled  by  hand.  Also  care  had  to  be  exeir- 
cised  in  blasting  to  protect  th^  railway  tra/cks  downhill  from  the 
grading.  The  crew  ahead  of  the  shovel  consisted  of  from  6  to 
12  men,  and  one  powerman,  who  did  all  the  loading  and  firing'. 
A  60-hole  battery  was  used  for  firing.  The  blasting  cost,  includ- 
ing labor,  powder,  exploders  and  battery,  $11,882  or  about  22  ct. 
per  cu.  yd.  based  on  the  total  steam  shovel  yardage. 

Cost  of  Street  Grading  '«rith  Revolvingr  Shovel,  in  Minneapolis. 
Fred  T.  PauL  in  Engineering  and  Contracting,  June  7,  1916,  de- 
scribes work  done  by  force  account  in  1915  under  the  City  En- 
gineer's Department.  The  material  moved  was  a  conglomerate 
with  a  medium  fine  sand  predominating.  The  cut  was  from  2  to 
15  ft.  ^eep,  70  to  80  ft.  wide,  and  about  3,500  ft.  long.  A  Marion- 
Osgood  No.  18,  %-eu.  yd.  traction  steam  shovel  pdaced  the  ma- 
terial in  ordinary  1%-cu.  yd.  dump  wagons,  and  these  in  turn  de- 
posited it  in  the  fills  on  the  street,  making  an  average  haul  for  the 
job  of  ,1,000  ft. 
The  work  was  started  June  12  and  finished  Aug.  20,  covering 
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a' period  of  55  full  working  days  of  eight  hours  each,  and  rflve  part 

days.  On  these  part  days,  little,  if  any,  dirt  was  moved,  but  the 
engineer, .  foreman,  fireman,  watchman  and,  timekeeppr,  received 
full  time  —  while  the  laborers  and  teams  were  given  only  part 
time.  A  total  of  21,500  cu.  yd.  of  material  were  handled  inithe 
55  , full  days,|  making  an  average  day's  output  of  391.cu.  yd.  The 
maximum  was  reached  during  five  days  in,  the  heaviest  cut  when 

611  cu.  yd.  per  day  was  moved.                                       ,,,  ,  i 
The  total  material  cost  of  the  job  was  as  follows,:  ;, . 

'  27.45  tins  of  soft  coal  at  $5.05  per  ton J   138.62 

50  gal.  steam  cylinder  oil  at  $0,294  per  gal 14.70 

Illacksmitli  repairs ,.., 17.64 

New  shovel  parts   '. ..'. .S2 

Miscellaneous,  irucluding  waste,  packing,  hose; '  grease;  etc '    27.78 

i   199.56 

The  average  daily , payroll  was  as  follows: 

1  foreman  at  $4  per  day   -. $      4.00 

1  bnginemkn  at  f 6  per  day 6.00. 

1  fireman  at  |2.50.Ber  day  , 2.50 

l-20th  timekeeper  at  $4  per  day  ; .20 

1  tralchmari  lit  $2.50  per  day : 2.50 

2  ^laborers '  on  dump  at  $2.50  jtey  day  each 5.00 

2  laborers  in  pit  at  $250  per  day  each  "5.00 

1  mborer  on  coal  and  water  at  $2j50  ^fer- day  .;......  .;7...  ..l 2j50 

6  laborers  strflighteoing  and.  leveling  up  at  $2.50  per  day  each 15.00 

7  teams  on  dump  wagons  at  $5  per  day  each 35.00 

Total  average  daily  payroll  $     77.70 

Grand  total  payroll  for  sixty  days $4,653.61 

Total  m,aterial  a^  abov,e,  199.56 

Interest  and  depreciation  on  plant  ; 70.00 

:  ,      '  $4,823.17 
-                Distribution  and  Unit  Costs 

General  —            -  Amount 

Foreman;  60  days  at  $4  •. $   240.00 

i-20th  timekeejper,  .60  days  at  20  ct 12.00 

Total  general $   252.00 

Per  cu.  yd $0,012 

,     Excavating  and  Placing  Material  in  Wagons 
Labor  —  ^        ' 

Engineer,  60  days'at  $6 $   360.00 

Fireman,  60  days  at  $2.50  150.00 

Watchman,  60  days  at  $2.60  150.00 

2  pit  laborers,  58  days  at  $5  , £90.00 

Laborer  on  coal  and  >vater,  68^  days  at  $2.50  145.61 

6  laborers  on  cleanup,  58  days  at  $15  870.00 

Tptal  labor $1,965.61 

Per  cu.  yd $0,091 

Material  and  supplies  as  above  $   199.56 

Interest  and  depreciation  on  plant,  10%%  on  $4,000  for  60  days. .  70.00 

'    '  $2,235.17 

Per  cu.  yd : $0,101 
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Hauling,  Including  Placing  in  Dump 

7  teams,  58%  days  at  $35 $2,046.00 

21aboTers,  58  days  at  $5-. ,        290.00 

^  $2,336.00 

Per  ou.  yd i...; $0,109 

Grand  totals    ; $4,823.17 

Per  cu.  yd ;.. ; $0,224 

Based  on  the  total  cost  of  moving  21,500  cu.  yd.  an  average 
^istapce.of  1,000  ft.,  the  cost  per  cubic  yard  hauled  100  ft.  would 
be  .022.  However,  the  actual  hauling  cost  per  cubic  yard  per 
100  ft.  was  only  .011. 

Revolving  Shovel  on  Stuet  Railway.  Costs  are  given  by  Tir- 
rell  J.  Ferrenz,  in  Engineering  and  Contracting,  Oct.  18,  1916,  as 
follows: 

The  Chicago  Surface  Lines  build  on  the  average  f roip  50  to 
60  miles  of  single  track  per  year.  Inasmuch  as  the  city  of 
Chicago  embraces  over  200  square  miles'  of  territory  within  its 
corporate  limits,  widely  divergent  soil  conditions  are  encountered 
in  this  work;  These  include  a  large  amdunt  of  stiff  clay  and 
sandy  soil,  together  with  considerable  swamp  land  and  in  some 
instances  of  outcropping  rock.  It  is  the  practice,  wherever  con- 
ditions permit,  to  employ  a  steam  or  electric  shovel  in  excavating 
to  subgrade  for  the  track  structure. 

The  Standard  type  of  construction,  as  approved  by  the  Board 
of  Supervising  Engineers,  provides  for  depths  of  21%  in.  and 
23^ '  in. '  from  the  street  grade  to  track  foundation,  the  width 
of  cut  commonly  being  18  ft.  2  in.  for  double  track,   i  i  • 

The  following  results  were  obtained  by  a  detail  time-study  of 
excavation  on  West  51st  St.,  between  Leavitt  St.  and  Central 
Park  Av.,  a  distance  of  \%  milies:  : 

Pepth  of  cut,   average 26  in. 

■Width  of  trench'  18  ft.  2  in. 

Kind  of  material  Stiff  clay 

Type  of  shovel  (18-ton) Thew  steam  shovel 

Capacity  of  shovel .%  cu.  yd. 

Swell  of  Broken  Ground.'  The  quantity  of  material  in  place 
was  obtained  by  taking  levels  at  various  points  and  computing 
the  yardage  for  each  iO-ft.  section.  Loose  earth  was  removed  by 
wagons  which  were  loaded  full  each  trip.  — 

Lineal  feet  excavated  on  test  ....» 230 

Total  place  measurement,  cU.  yd.  ..^ i 230 

Number  of  loads  •' ■■■• 221 

Capacity  per  load,  cu.  yd ' 2 

Total  loose  material,  cu.  yd ™ 

Swell  of  broken  ground,  per  cent '* 

Time  Excavating  and  Loading :..,.'  ^  ^^ 

Wagon  in  position  fo^  loading,  min , ,  0-25 

Time  for  loading,  min.  '. 1-52 
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Getting  under  way,  min; ,.. ■■•.;v--- 0.20 

Moving  up  shovel,  min ....i.'.ji...  .....^...« ,0.20 

Minimum  time  per  load,  min • 2.17 

Average  time  per  load,  including  all  stops,  delays,  etc.,  min 2.52 

Average  number  o£  loads  per  XO-hr.  day 238 

Cubic  yards  loose  material  loaded  .per  10-hr .^ day  ,....'.,. r- 476 

Cubic  yards  in  place  loaded  per  10-hr.  day  355. 

Lineal  feet  excavated  per  10-hr.  day  243 

:  Cubic  yards  in  place  per  lineal  foot  ,1.46 

Time  Hauling.  Hauling  was  done  by  a  teaming  contractor 
under  a  general  agreement  covering  the  removal  of  all  excavated 
material,  within  the  limits  of  a  specified  territory.  Hauling^  by 
wagon  over  common,  fairly  dry,  unpaved  streets  required  0.5  min. 
per  100  ft. 

Bate  per  100  ft.,  incl.  stops;  lost  time,  etc.;' min.' 1.085 

Average  length  of  haul,  ft.. ...r ,       800 

Hauling  t^me  i)er  trip,. min ., ' '   17^36 

Total  time  per'tri^,  'iricl.  loading,  min.  -..; .'..■..':19.8S:  '    '1 

N'Umber  trips  p^ 'team  per  10-hr.  day  ., .,,.y j^;,   ,30 

, Number, teams, reqUjired  ...".' .'..;.. !,.'      '8 

Labor  Excavating  and  Loading:-    .•.';,,     ^   rj  i.  -  ,i 

1  engineman  at  75  ct.  per  hr.  ...^. '•••.., $  0.75    , 

1  fireman  at  34  ct.  per  hr. ' 0.34    ' 

10  laborers  at  22%  ct.  par  hr 2,25 

Per  hour $3.34" 

Total  per  10-hr.  day 33.40   . 

The  gang  of  ten  laborers  was  used  in  moying,  shovel  platform, 
furnishing  coal  and  water  for  shovel,  dressing  up  4itch,and  load; 
ing  wagons.  One  shovel  watchman  was  employed  at  $2.50  per 
day.  His  duties  consisted, in  watchjng  shpyel  and  keeping  up  fire 
at  night.     A  lunch  period  of  30  min.  was  allowed  at  noon. 

Cost  of  Supplies  for  Shovel:  . 

3  tons  Pocahontas  coal  at  $5.25  ; {15.75 

5  gal.  cylinder  oil  at  $0.40  2.00 

3%  gal.  engine  oil  at  $0.275 , 0.96 

3  lb.  colored  waste  at  $0.07 0.21 

Hi,  lb.  white  waste  at  $0,105  0.16 

2  lb.,  cup.  grease  at  $0,.08  ...;.» , 0.16 

Total  cost  per  week  of  six  days  ..i $19.24 

Cost  per  day   ,  .r , .        3^.21 

Summary  of  Costs: 

Per  10-hr.  Per  cu.  yd. 

day  in  place. ^ 

Excavating  and  loading  $33.40  $0,094  ' 

Watching  shovel   2.60  O.007          ' 

Supplies  for  shovel  3.21  0.009 


Total    ....> ; $39.11  $0,110 

Revolving  Shovel  Work  on  Roads  in  TTtah.     According  to  En- 
gineering and  Contracting,  Nov.  6,  1918,  the  State  Roads  Com- 
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mission  of  Utah  is  employing  steam  Shovela  on  heavy  cuts  and 
sidehiir  work  in  eorihecfion  with  road  construction  projects.  On 
one  job  in  Weber  Caiiyon,  near  Henefer,  a  20-ton  Bueyrus  Model 
18-B,  wol-kinig-  on  sidehill  cuta  for  roadSyay,  moved  about  400 
cii.  yd.  per  S-ht.  fehlft  for  several  days.  The  material  was  about 
35%  earth  and  65%  boulders,  ranging  from  '6  in.  to  3  ft.  in 
diameter  or  even  larger.  Some  of  the  larger  boulders  were 
broken  with  blasting  powder  ahead  of  the  shovel;  '  The  total  oper- 
ating expenses  per  8-hr.  shift  were  as'  follows":  • 

Team  and  wagon $6.00 

Steam  shovel  engiueman  '. „'...'. 6.00 

■''■'     3  Wifen  at  $4  ....; ; 12.00 

'    Field  engineer  r 6.00 

Coal    " : 4.00 

..Oil ;..... 1.00 

,  '  Total  per  day    '. ..: $35.00 

Taking  into  account  the  time  lost,  for  occasional  repairs,  a  unit 
price  of  10  ct;  per  cu.  yd.  was  obtained  on  the  greater  part  of  this 

Work.  J       .,     .  -i:  r  ,.  ,  ,   ,  ;,,... 

Steam  shovel  work  in  Willow  Creek  on  the  Castle  ,Gate-Du- 
chesne  post  road,  Carbon  County,  Utah,  had  the  following  quan- 
tities in  the  July  estimate,  1918: 

,    "  '  '  Ou.  yd. 

Earth    ' ..,.. .....,..;....... ...;'   3,500 

Loose  rock  :..: ;.  ..'.J....  ..j ■....;..' 1.000 

Solid  rqck    :........, ......; , 1,800 

Total ;..;.:...'. ..: 6,300 

The  pay  roll  covering  this  work,  including  blasting  the  ledge 
rock  and  large  boulders  and  some  leveling  and  finishing  of  the 
grade,  amounted  to  $1,283,  giving  a  unit  cost  of  20  ct.  pet*  cu.  yd. 

Uotor  Trucks  Loaded  by  ^team  Shovel.  When  motor  trucks 
are  used  in  earth  excavation,  the  spoil  is  generally  loaded  onto 
a  platform'  or  into  a  hopper,  and  thence  dumped  into  trucks,  in 
order  that  the  trucks  ma,y  be  kept  off  the  soft  ground.  In  the 
excavation  for  the  cellar  of  the  Circle  Buildingj  at  Columbus  Cir- 
cle, New  York  City,,  according  to  Eiigi^eering  News,  September 
,30,  1915,  the  trucks  were  sent  directly  into  the  cellar  being  exca- 
vated.'  Thtee-ton  motor  trucks  were  loaded  by  a  steam  shovel, 
which  started  at  one  end  of  the  site  and  worked  to  the  other  end, 
wh'ei-e  it  turned  around  and'  dug  its  way  out.  Each  truck  held 
4  cu.  yd.  of  earth.  'Twenty  trucks  were  employed,  each  hauling 
seven  loads  per  day.  The  trucks  were  drawn  out  of  the  excava- 
tion by  a  cable  operated  by  a  hoisting  engine. 

Motor  Trucks  for  the  Public  Service  Terminal,  Newark,  K.  J. 
Engineering  and  Contracting,  July  12,  1916,  gives  the  following: 
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The  contract  by  Hglbrook,  Cabot,  &  Rollins,,  New  York,  N.  Y., 
for  the  Public  Service  Terminal  at  Park  Place,  , Newark,  N.  J., 
called  for  the  excavation  of  over  120,000  cu.  yd.  of  e»rth  to  be 
removed  from  a  plot  900  ft.  long,  with  an  average  width  of  140 
ft.  and  a  depth  of.  25  ft.  below  curb.  In  addition  there  were  136 
caissons,  averaging  8  ft.  in  diameter,  to  be  sunk  to  a  depth  of  at 
least  58/ft.  in  order  to  reach  rock.         ,,  ,      , 

In  hauling  the  excavated  matejf ial  froni,  ten  to  twelve  Pierce- 
Arrow  trucks  were  emplpyed. ,  The  trucks;  were  operated  18  hr. 
a*day,"  working  two  9-hr.  shifts  of  men,  one  going  on  at  5  a.  m. 
and  the  other  quitting  at  midnight.  With  ten  trucks  in  service 
the  average  working  per  day  was  9%  trucks.  The  pnly  truck 
troubles  were  a  few  broken  springs,  due  to  the  rough  road  over 
which  the  hauling  was  done.  VVith  the  ten  trucks  working  18  hr. 
per  da,y,;  28  trips  per  truck,  of  5^  miles,  were  made.  Each  truck 
carried^  a  load  of  4  cu.  yd.  or  a  total  of  112  cu.  yd,  per  day.  The 
trucks  were  loaded  by  steam  shovel,  and  the  average  time  of 
loading  was  3  minutes.  • '  A  concise  statement  of  the  operations 
is  contained  in  the  following  report,  submitted  Dec.  2,  1914, 
after  the  work  was  well  under  way: 

Ten  4-yd.,  S-ton  Fierce-Arrow  trucks  in  15'.>we6ks  odtried  53,000  cu.  yd. 
earth  excavation  .7  miles  to  make  a  four-foot  fill  18  ft.  wide  and  2  miles 
long.  This,  sand,  loam  and  gravel  was  loaded  by  a  Bucyrus  18-B,  25-tan 
revolving  shovel  from  the  %-yd.  dipper  directly  into  the  trucks,  which  took 
it  up  'a  '400-foot  5%  grade  planked  ramp,  then  over  cobblestone'  and  other 
itooT  pavement  in  streets  with  car  tracks  and  over  one  drawbrid'ge  to  the 
above  mentioned  fill,  which  was  parallel'  to,  biit  only  connected  at  intervals 
with,  the  turnpike  road.  The  time  of  loading  varied  from  one  to  five  min- 
utes and  up.  Unloading,  aVout  the  same  time.  The  following  are  the 
figures:.' 

I     l»fumber  of  trucks. 'On  the  job  ,.,., 10 

Number  of  trucks  actually  at  work,  average  about. .  '         9^ 

ifumber  of  Ibads   ....'........,... 13,928 

'   Average  loads,  cu.  yd 3.8 

Average  weight  of  load  at  98  lb.  per  cu.  ft.  tons  ....  4.9 

Total  mileage  for  9%  trvicks  98,888 

*       Average  mileage  1  truck *. ^ ^. .-■...  10,400 

'   Number  of  days  worked  (Sunday  not  included)  90 

Number  of  days  two  shifts  worked  ...'.' .'....■. 74 

Total  shifts  worked  in  90  days  , 165 

Average  miles  per  9V^  hr.  shift  for  9%  trucks 600 

Average  mile  pfcr  truck  per  9%  hr.  shift  ...^ 63 

The  books  show  that  the  overbed  expense  was  $8  a  day,  which 
Included  interest,  insurance,  garage  service,  and  the  salaries  of 
the  two  drivers.  The  operating  expense  was  shown  to  be  18  ct. 
-per  m'ile,  which  included  tires,  gasoline,  oil,  repairs  and  depre- 
ciation. Figuring  on  the  basis  of  each  truck  making  154  miles 
per  18-hr.  day,  which  was  the  average,  the  total  cost  per  truck 
per  day  was  $35.72,.  and  this  reduced  to  the  cost  of  yardage 
removed,  figured  out  32  set.  per  yd. 
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In  estimating  what  the  cost  of  doing  this  work  with  horse 
teams  ^yould^  have  been,  it  was  figured  that  there  was  a  saving 
of  approximately  60%  in  favor  of  the  motor  trucks.  The  net 
saving  on  this  basis  would  amount  to ;  $550  a  day.  It  is  some- 
what idle,  however,  to  speculate  along  these  lines,  for  it  is  a  plain 
statement  of  fact  that  hprse  teams  simply  could  not  have  done 
the  work  at  any  cost  within  the  contract  time. 

Electrically  Operated  Shovels.  Engineering  and  Contracting, 
Dee.  14,  1910,  gives  the  following:  The  mechanical,  equipment 
of  an  electrically  operated  shovel,  i.  e.,  the  dipper,  boom,  ca,r  and 
trucks,  is  built  along  the  familiar  lines  of  the  steam  shovel.  The 
power  equipment  consists  of  a  motor  of  from  50  to  200  hp.  to 
operate  the  hoist,  and  two  motors  of  from  25  to  80  hp.  to  swing 
the  boom  and  operate  the  thrust.  The  hoist  and  swing  motors 
are  located  in  the  car,  and  are  geared  to  the  drums  through  suit- 
able reducing  gears.  The  thrust  motor  is  mounted  directly  on 
the  boom,  and  communicates  its  motion  to  the  bucket  staff  through 
'reducing  gears  connected  to  a  pinion  engaging  a  rack  on  the  staff. 
The  motors  are  of  the  crane  or  mill  type,  with  high  torque  char- 
acteristic, and  may  be  for  either  direct  or  alternating  current. 
They  are  reversing  and  are  under  perfect  control.  When  desired 
the  controllers  may  be  connected  to  the  ordinary  hand  lever  used 
on  steam  shovels,  so  that  a  steam  shovel  engineer  can  operate 
the  electric  shovel  without  any  trouble.  Data  in  regard  to  the 
sizes,  capacities  and  motors  required  are  given  in  Table  I., 

TABLE  I  —  ELECTRIC  POWER  SHOVELS 


Weight 
of  shovels 

Size 
of  dipper 

— Hp.  of  motors — 

Tons 

Cu.  yd. 

Hoist 

Thrust 

Swing 

30 

1 

50 

30 

30 

35 

1% 

50 

30 

30 

35 

1% 

60 

30 

30 

35 

ihi. 

75 

35 

35, 

42 

.    1% 

75 

30 

30 

65 

2 

100 

35 

35 

95 

Shi 

150 

50     , 

50. 

100 

4 

200 

80 

80 

The  power  is  ordinarily  taken  from  trolley  wires,  or  from  a 
transformer  located  near  the  cut,  the  feed  cables  from  the  power 
circuit  to  the  car  being  wound  on  a  retractile  rfeel  in  the  cab 
'and  drawn  in  or  paid  out  as  the  cut  advances.  The  wiring  in 
the  car  is  enclosed  in  conduit,  and  is  well  protected  from  moisture 
and  mechanical  injury. 

The  chief  objection  in  the  past  to  electrically  operated  shovels 
has  been  the  possibility  of  damage  to  the  hoist  motor  when  stalled, 
due  to  the  bucket  digging  in  too  deep,  or  striking  a  rock  or  other 
obstruction  in  the  bank.     The  heavy  current  taken  at  such  times 
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was  apt  to  cause  a  turn-out,  while  if  the  motor  was  properly 
protected  by  fuses  or  circuit-breakers,  their  continual  opening 
caused  annoying  interruptions  of  service.  This  difficulty  has 
been  overcome  by  the  use  of  automatic  magnet  switch  control, 
which  protects  the  motor  against  such  overloads  by  cutting 
resistance  into  the  circuit  whfen  the  current  exceeds  a  certain 
value.. 

The  motor  '  driving  the  thrust  may  be  operated  either  by  a 
druin  controller  or  by  automatic  magnet  control.  The  motor 
and  its  controller  must  be.  of  such  a  design  that  the  motor  will 
be'  able  to  develop  a  heavy  torque  for  short  intervals  of  j  time 
while  standing  still,  or  rotating  very  slowly.  Its  duty  is  to 
jam  the  dipper  against  the  bank  and  hold  it  there  while  the 
hoist  operates.  As  soon  as  the  dipper  strikes  the  bank  the  thrust 
motor  ceases  to  revolve,  except  ■^ery  slowly,  but  must  still  exert 
full  torque  in  order  to  keep  the  dipper  against  the  face  of  the 
cut.  Its  characteristics  shoiild,  therefore,  ■  be  such  that  it  may 
be  stalled  frequently  for  a  minute  or  more  at  a  time  and  still 
keep  developing  full-load  torque  without  injury.  ;  ■  . 

The  motor  driving  the  swinging  boom  may  be  operated  by  hand 
control  if  provided  with  a  magnetic-  brake  to  stop  the.  motor 
quickly  and  keep  the  circuit-breaker  from  opening  if  the  motor 
is  reversed  quickly;  or  may  be  operated  by  automatic  control 
without  a  brake.  The  operator  can  place  the  bucket  with  greater 
precision  and  ease  with  the  automatic  control  on  account  of  the 
rapidity  with  which  the  magnet  accelerates  the  motor.  The 
controller  panels  and  switches  are  placed  in  the  rear  of  the  car, 
while  the  faster  switches  or  drum  type  controllers  are  placed  in 
the  front  within  easy  reach  of  the  operator.  This  makes  a 
very  compact  and  accessible  equipment. 

Perhaps  the  most  promising  field  for  electric  shovels  is  in  con- 
nection with  electric  traction  lines,  where  electric  power  is 
usually  available  at  a  very  low  rate.  For  this  service  they  are 
mounted,  on  standard  gage  trucks  equipped  with  air  brakes,  and 
may  be  iauled  on  the  regular  tracks,  or  may  be  equipped  with  a 
trolley  and  made  self  propelling,  the  maximum  speed  being  about 
5  miles  per  hr. .  Great  economy  can  also  be  effected  by  the  use 
of  electric  shovels  in  any  territory  where  coal  is  jhard  to  pro- 
cure and  water  power  is  comparatively  cheap,  as  experience  has 
shown  that  with  current  at, 2  iCt.  per  kw,-hr.  or  less,  their  cost 
of  operation  is  only  about  half  that  of  steam  shovels..  And  as 
part  of  "this  saving  is  obtained  by  decreased  labor  costs,  and  the 
cost  for  power  is  only  abput  one-third  the  total  cost  of  operating 
the  shovel,  local  pircumstances  may  determine  a  saving  at  con- 
siderably higher  power  ra;tes.    , 
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Operating  Costs.  While  the  initial,  cost  of  electric  shovels  is 
more  than  that  of  steam  shovels,  their  operating  cost  is  usually 
less. -t. They  can  ordinaiily  be  operated  by  a  ;smaller  number  of 
men;  the  hauling  >  of  coal  and  water  is  dispensed  with;  their 
power  economy  is  greatly  superior  to  that  of  the  steam  shovels, 
and  they  can  be  handled  with  greater  precision  a,nd  rapidity:  In 
addition,  the  electric  shovel  isi  comparatively  noiseless  in  opera- 
tion, which  is  a  great  advantage  for  city  use. 

Some  interesting  data  in  regard  to  the  cost  of  operation  of 
electric  shovels  has  been  obtained  by  the  Vulcan  Steam  Shovel 
Co.,  of  Toledo^  O.  One  of  these  shovels  has  been  operated  by 
the  Milwaukee  Electric  E.  &  Light  Co.  for  several  years,  at  a 
consumption  of  approximately  100  kw.-hr.  per  lO-hr.  day.  It  is 
used  for  loading  gravel  at  a'  gravel  bank  and  is  operated  by 
two  men,  who  load  from  300  to  400  cu.  yd.  of  gravel  per  day. 
The  average  daily  expenses  of  operating  this  shovel  are: 

One   engineman    J2.00 

One  craneman -  1.75 

Electric '^ower  at  1.5  ct.  kw.-hr. '  l!50 

Oil,  waste,  repairs,  etc 0.75 

Total  per  day  $6.00 

The  Chautauqua  Traction  Co.,  of  Jamestown,  New  York,  has 
been  operating  a  shovel  equipped  with  a  75-hp.  hoist  motor, 
since  1907.  This  shovel  is  usied  in  loading  a  mixture  of  gravel, 
sticky  clay  and  sand,  which  is  very  hard  to  dig,  and  is  operated 
by  2  men  on  the  shovel  and  2  pitmen.  The  current  consumption 
on  a  special  test  averaged  163  kw.-hr,  per  8-hr.  day,  and  534 
cu.  yd.  of  material  were  loaded  in  an  average  day.  The  total 
expenses  per  day,  including  the  pitmen,,  were  $8.80,  or  approxi- 
mately 1.7  et.  per  cu.  yd.  The  maximum  capacity  of  this  shovel 
is  about  1,000  cu.  yd.  per  8  hr.  If  operated  at  this  capacity,  the 
power  consumption  would  be  increased  in  proportion  to  the  out- 
put, but  the  labor  charges  would  be  the  same  as,  figured  in  the 
above  statement.  This  would  bring  the  cost  of  shoveling  down 
to  about  li  ct.  per  cu.  yd. 

CompaTison  of  Cost  of  Steam  and  Electrically  Operated  Shovels. 
Where  the  cost  of  electric  energy  is  very  low,  or  where  the 
smoke  and  sparks  of  a  steam  plant  constitute  a  nuisance,  as  in  a 
city,  the  substitution  of  electric  motors  for  the  steam  power  plant 
on  shovels  is  profitable.  .  Electric  shovels  may  be  divided  into 
three  classes :  ( 1 )  '  the  friction-electric,  which  is ,  operated  by  a 
single  constant-speed  motor  with  friction  clutches;  (2)  the  three 
or  four  motor  direct-current  equipment;  (3)  the  three  or  four 
motor  alternating-current  equipment.  The  friction-electric  shovel, 
according  to  Mr.  H.  iW.  Rogers  in  Engineering  News,  Mar.   19, 
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1914,  does  not  compare  favorably  with  the  other  two  classes  as 
far  as  speed  is  concerned,  although  it  may  be  operated  as  cheaply. 
The  saving  in  operating  cost  of  the  electric  shovel  over  the 
steam  shovel  depends  on  the  comparative  cost  of  coal  and  elec- 
tric power,  and  will  vary  for  different  localities.  However  it 
should  be  remembered  that  an  electrically  operated  shovel  elimi-^ 
nates  the  fireman,  watchman,  coal  passer,  teaming  for-  ^  day, 
the  use  of  water,  and  considerable  waste.  Assuming  that  the 
shovel  working  year  consists  of  150  days,  and  that  the  shovel 
is  worting  but  one  shift  a  day,  the  following  is  the  approximate 
comparative  cost  of  operation  of  steam  and  electric  shovels. 

Labor  per  shift  Steam.             Electric  . 

Shovel  runner ^ $  6.00                 $  6.00 

,      Cranemap    4.00                     4.00 

Fireman     2.50 

Six  pitmen  at  J1.75  .......,, lO.BO                   10.50 

One  "watchman    1.75 

One  coal  passer  1.50, 

Teaming  VA  day)    2.50 

Oil  and  waste  1.50         ^         0.75 

Total   labor    $30.25  $21.25 

— ■ — Blectri^ 

Direct  Alternai(ing  - 

Steam            current  current    - 

Interest  at  "6%   .. .- $5.20              $7.75  $10:85 . 

Depreciation  at  4%%   ........        4.03                 6.00  8.43 

Repairs  at  10% 8,66 

Bepairs  at  6%   7.75  10.85 

Labor  per  shift   30.25                21.25  21.25 

Total  exclusive  of  power.    $48.14  $42.75  $51.38 

The  above  is  based  on  the  following  first  costs  of  shovels: 
Steam  shovel,  $13,000;  direct-current  electric  shovel  $19,400; 
alternatiiig-current  electric  shovel  $27,000. 

Revolving  Electric  Shovel  on  Street  Railway  Work.  The 
following  is  from  Electric  Raihoay  Jl.,  Dec.  2,  1911:  For  exca- 
vating trenches  for  new  and  rebuilt  tracks,  the  United  Railway, 
Co.,  of  St.  Louis,  Mo.,  used  a  Thew  No.  0  (18-ton)  electric 
shovelwith  a  %-yd.  dipper.  In  the  suburbs -in  xmgraded  streets, 
where  the  digging  is  to  depths  of  3  or  4  ft.,  the  truck  on  which 
the  shovel  is  mounted  is -self-propellied  on  4-ft.  sections  of  tem- 
porary track,  moved  from  the  rear  to  the  front  of  the  shovel 
as  the  work  proceeds.  • 

Where  a  shallow  trench  is  being  excavated,  the  shovel  must 
be  moved  forwaird  frequently,  and  therefore  »  special  cradle  for 
carrying  the  shovel  truck  over  the  trench  on  temporary  track, 
laid  in  advance,  was  devised.  This  cradle  apd  truck  is  illustrated 
in  Fig. -69.     The  cradle  was  built  of  10-in.  channels  and  equipped 
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with  four  12-in.  double-flanged  wheels.  It  is  bolted  to  the  tracks 
When  supported  by  this  device  the  propelling  mechanism  of  the 
shovel  was  useless.  Therefore  a  pvsh  car,  fitted  with  axles  having 
wheels  set  at  both  standard  and  10-ft.  gage,  was,  used  to  move 
the  shovel."  A  trench  21  in.  deep  and  7.5  ft.  wide,  was  excavated 
at  the  rate  of  300  lin.  ft.  or  146  cu.  yd.  in  10  hr.,  under  city 
conditions. 


Blocking  for  Second  i 
'  Track  dI  Double    I 
Track  when  Pevtl 
Strip  U  Excavated. 


End  View  showing  Position  of  §hovel  on  Truck, 
Fig.  69.    Special  Truck  for.  Automatic  Shovel 

Power  Consumption  of  Electric  Shovels.  For  excavating 
gravel  for  the  construction  of  a  dam  across  ^he  Carson  River  at 
Lahontan,  Nev.,  a  .^ucyrUs^  214-yd.  dipper,  electric  shovel  was 
employed.  This  machine,  its  performance  and  power  consump- 
tion were  described  by  Mr,  C.  E.  Hogle  i];i  Engineering  News, 
Jan.  23,  1913.  .  ' 

The  hoisting  machinery  was  geared  to  a  H5-hp.,  440-volt,  3- 
phase,  60-cycle,  variable  speed  induction  motor  which  also  pro- 
pelled the  shovel.  The  swinging  gear  and  the  thrust  mechanism 
were  each  driven  by  a  50-hp.  motor.  In  additioiij  therp  was  a 
2-hp.  motor  that  furnished  power  to  an  air  compressor  which 
supplied  air  for  brakes.  On  the  rear  of  thp  shoyel ,  were  three 
90-k.v.a.,  single-phase  transformers  which  stepped  down  the  line 
voltage  from  2,300  to  440.  Current  was  supplied  to  the  shovel 
through  700  ft.  of  triple  conductor  cable,  armored  with  D-shape 
steel  tape.     This  was  laid  on  and  dragged  along  the  ground. .      ' 

In  order  to  get  some  definite  data  regarding  the  performance 
and  power  consumption  of  this  shovel,  a  test  was  r(iaijei,.a,t 
Lahontan,  Nev.,  on  the  morning  of  Oct.  14,  1912.  A  polyphase 
recording  watthour  meter,  a  polyphase  curve-tracing  wattmeter, 
a  curve-tracing  ammetef  and  a  voltmeter  were  instafleB:  in  the 
2,300-volt  circuit  supplying  the  stovel.     The  speed  of  th'^  |faper 
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in  the  curve-tracing  ammeter  was  10%  in.  per  min.,;  while  the 
speed 'Of;  the  paper  in  the  curve-tracing  wattmeter  was  11  in. 
per  min.  The  different  operations  of  the  shovel- were  noted  hy 
a  separate  observer,  who  signaled  to  the  instrumq^nt  observers 
and  also  timed  the  different  operations  with  a  stop-watch., 

The  shovel  was  working  in  a  gravel  bank  10  to  l^;,f^.  deep, 
and  the  clear  lift  of  the  dipper  was  16  ft.  The  condititfrfs...of  the 
work  were  not  favorable  to  making  a  test  for  determining  the 
maximum  excavating  capacity  of  the  shovel.  Only  two  six-car 
trains  could  be  spared  for  the  test,  and  no  attempt  was  ;made  to 
adjust  the  train  length  to  the  material  to  be  excaivated.-  The 
shovel  has,  htweyer,  been  opera,ted  at  Very  nearly  four  circles 
per  minute,  a  cycle  being  a  dipper  load.  ' 

The  tests  lasted  throughout  six  trains  of  six  cars  each  and 
current  and  wattmeter  curves  were  taken  _  throughout  the  whole 
time  covered  by  these  six  trains,  thus  giving  a  complete  record 
of  every  operation.  Only  the  curves  for  train  No.  12  are  shown 
in  the  accompanying  figures.  During  the  test  of  train  No.  12 
the  voltage  varied  between.  2360  arid  1960."     - 

The  data  deri^fed  from  these  tests -are.  grouped  in  the  accom- 
panying table. 

ELBCTEIO  SHOVEL  TEST  D.  S,  EjECLAMATION  SEEVICE; 
TRUOKEB-CARSONPRO.JECT 

"  Lahontan,  Nevada, :  Oct.  .14,.  1912 

Time  in  .  Maximum  Highest  Power 

minutes  Cycles  peak  per  train  average'  cojisumed 

No.       No^       Cubic    required  per  Am-  kws,'  ■  loslding 

train  cycles    yards      to  load  minute  peres  at    kilo.  per  trains 

tra^ins  ,  2,300  v.    watts  .  cycle.  kw.hr. 

9         12          24            4,08  2.94  88           226  ^  112    '  '    6.22  ' 

10  12           24             4.57  2.62  97           259  132' >••  7.68 

11  12  ;        24        .    4.75  ;    2.52  87           236  120       ,  ,  6.75 

12  12           24            4.00  S.0.0  "  90           225  118  6.40 

13  11        '22            4.00  2.75    ■  99         '  252  lOfe  •  7.12 

14  12         .24            4.50  2.67  90           238  126  6.15 
Totals 

and      71         142  25.90  2.75  ..  ...  ...  6.72 

averages  ■..'';  :,.,!.- 

Total  time  elasped  from  start' of  train  No.  9  to  end  if  traiii 'No.  14 '45.5  min. 

Total  time  of  loading  .trains   .; , i 25.9  min. 

Totftltime  of  delays,  .moving  up,  waiting  for  cars,  etc 19.6  min. 

Digging  and  loading  period  ij  57%  of  total  time.  '    ' 

Delays,' moving/ up,  etc.,  is  43%:  of  total  time.  "  <      , 

On  the  above  basis  the  amount  qf  gravel  excavated  per  8-hr.  day  is  1,'500  cu. 
yd.  of  loose  gravel:  -L!-\  .    ■,  ,    i         i 

Total,  power  consumed  by  six -trainsi  is  42  96  kw.vhr,  or,  7.16  kw.-hr.  per  tiaia, 
Total  number  ,of  trains  per  8-hr.  day  =  63  3. 
Power  Cohsunied  by  shovel  p<r  8hr.  day  =  453  kw.-hr. 
Power  consuAned.  per  cu.  yd.  iof  loose  gravel  :±  0-.302  kw.-hr.  ;  ,  ; 

Cost  with  Electric  .Shovel.  The ,  Chautauqua  Traction  Co., 
Jamestov^n,  N.  Y.,  used  a  Vulcan  electric  shovel  during  1908  for 
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■  excavating  ballast.  This  machine  was  Aeacribed  in  Engineering 
and  "Contracting,  Jan.  6,  1909.  Complete,  it  wfeighed  about  40 
tons.  Power  was  furnished  through  three  variable  speed,  D.  C, 
600  volt,  700  rpin.  motors.  The  hoisting  motor  was  75hp.,  and 
was  provided  with  an  automatic  magnetic  controller  and  circuit 
breaker  for  throwing  off  the  current  when  extraordinarily  hard 
material  Was  encountered,  thus  preventing  any'  danger  of  the 
iiidtor  stalling  arid  burning  out.  The  swinging  gear' ^  motor  was 
30-hp„  arid  the  crowding  engine  motor  was  30-hp.,  also. 

'Mr.  A.  N.  Broodhead,  president  of  the  road,  ■  is  authority  for 
the  following  cost  data.  i 

1  man    ,..-i.. .'.    $0.33 

1  man    .^....;. .....j... ;.....      0.25 

2  men,  at  15  ct.r .., 0.30 

20,346, K.  W.  hr.,,at  .0088  ct ;....;...      O.IS'' 

Oil  and  waste   (estimated) ....'. 0:D4 

Total, cost,  per  tr. .;.... Jl.lO  ' 

The   anaount    excavated   each   hour   was   66%   cu.   yd.,   giving 
the  following  costs  per  day:  ■  ^ 

8  hr.,  at  $1.10,  $8.80.' 

8  hr.  at  66%  cu.  yd.,  534  cu.  yd. 

$8.80  divided -by  534  cu.  yd.,  1.64  ct.  percu.  yd.  for  loading. 

The  material  excavated  was  a  mixture  of  gravel,  sticky  clay 
and  sand,  which  made  it  hard  to  dig,!  but  as  will  be  seen  from 
the  above  figures,'  the  coat  of  this>  work  was  very -low.  There 
are,  of  course,  several  causes  for  thispthe  principal  ones  being, 
first,  that  as  the  shovel  requires  no  boiler,  the  cost  of  a  fireman 
and  of  hauling  coal  and  water  are  eliminated;,  second,  that  the 
work  of  the  shovel  was  so  Iritermittent  and  ^lien  the  shovel  was 
idle  no  pOWer  was  being  consumed  as  would  be  the  ease  with 
steam -shovel.  The  shovel  could  have  been  operated  to  its  maxi- 
mum 'ca'pafcity,  which  would  have  given,  twice:  the  yardage,  at 
nearly  the  same  cost  as  the  men  had  to  be  paid  whether  they 
were  working  or  idle,  and  the  additional  cost  for  power  would 
not  have  been  more  than  twice  what  it  was  which,  on  the  same 
"basis,  would  mean  1,068  yards  at  a  cost  of  $10.24,  or  less  than 
1  ct.  per  cu.  yd. 

Revolving  Electric  Shovel  In  a  Gravel  Pit.  In  Engineering 
and  Contracting,  July  22,  1908,  were  published  data  relating  to 
the  cost  of  operating  a  Thew  No.  1  electric,  shovel,  owned  by 
the  Brautford  &  Hamilton  Electric  Railway,  Canada.,  The  ma- 
chine weighed  25  tons,  was  furnished  with  a  1  cu.  yd.  dipper, 
and  was  equipped  with  a  35-hp.  motor.  Two  men  composed  the 
operating   crew.  ,    ,      " 

The  cg^ditions  under  which  this  shovel  was  worked  were  most 
favorable.     It  worked  in  a  gravel  pit,  the  depth  6f  the  cutting 
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•being  about  14  ft.  TJbe  material  was  very  easy  to  handle.  The 
pit  was  very  long,  so  the  shovel  did  not  need,  to  be  shifted  ofteii, 
and'inasmuch  as  it  makes  a  complete  swing,  the  time  of  shifting 
was  very  short.  A  special  trolley  wire  was  used  for  thp  motor 
in  the  shovelj  so  that  the  current  was  constant.  No  time  was 
lost  in  -moving  the  ^ovel  ahead,  as  two  men  working  in  the 
pit  would,  clean  out  a  space  directly  in  front  of  the  shovel,,  when 
the  machine  would  pick  up  a  section  of  track  in  the  rear  and 
place  it  in  the ,  newly  cleaned  space.  While  the  two  pitmen  were 
fixing  this  piece  of  track  the  shovel  would  take  gravel  from 
the  'side,  so  that  not  more  than  a  minute  was  required  to  move 
the  shovel  ahead. 

The  compapy  had  an  ample  supply  of  flat  cars  on  each  of 
which  were  loaded  14  cu.  yd.  loose-  measurement.  There  were 
also  plenty  of  motors  to  haul  the  trains  away,  six  cars  making 
up  a  train.  One  motor  oar  was  used  to  spot  the  cars  continuously, 
and  a  man  was  employed  as  a  signalman  to  assist  in  spotting  cars. 
The  shovel  worked  a  10-hr.  shift,  .land  any  repairing  and  over- 
hauling was  done  at  night  by  another  •  crew.  Operating  in  this 
manner,  as  a  rule,  the  shovel  was  loading  the  maximum  time, 
there  being  but  little  time  lost  in  placing  cars  under  the  dipper 
and  in  moving  ahead.  With  th9  electric  current  no  time  waa 
lost  in  taking  supplies  of  water  and  fuel. 

The  trains  that  carried  the,  gravel  away  were  operated  by  a 
motorman  and  one  other  man.  A  plow,  pulled  by  the  motor  car, 
■  was  used>  to  unload  the  cars,,  and  two  men  were  kept  on  the  dump 
to  handle  the  cable  of  the  plow  and  to  attend  to  other  details. 

Owing  to  the  large  supply  of  cars  and  motors,  to  the  favorable 
conditions  in  the  pit  and  the  method  of  operating,  the  output 
of  the  shovel  per  day  did  not  vary  much.  A  great  many  days 
100 'flat  cars  were  loaded  each  day  and  hauled  away.  This  meant 
an  output  of  1,400  cu.  yd.,  loose  measurement,  or  1,050  cu.  yd. 
place  measurement. 

The  labor  cost  of  operating  per  day  was  as  follows:., 

,   ,               Superintendent ; , $4.00 

Shovel  Crew: 

2  shovelmen     6.00 

2  pitmen 3.00 

Spatting  Oars: 

1  motorman    3.00 

1  signalman   l.BO 

Transporting  (2  trains) :  ' 

2  motormen    ,.;      6.00 

2  trainmen    3.00 

Dump : 

2  men    ,.        3.00 

Total'per  day $29.60 
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With  1,050  cu.  yd.  moved  per  day  we  have  the  following,  unit 
cost  for  labor: 

Superintendence    $0,004 

Loading 0.013 

Trflnsporting     0.009 

Pumping O.OO'S 

Total  per  cu.  yd $0,029 

To  this  must  be  added  charge  for  power,  plant  charges,  re- 
pairs and  track  work.  When  the  haul  increased  in  length  addi- 
itional  trains  were  added,  so  that  the  shovel  was  still  kept  busy 
loading  the  cars.    . 

On  some  days  the  output  fell  to  80  car-loads  or  less.  With 
this  output,  namely  800  qu.  yd.  place  measurement  per  day,  the 
unit  labor  cost  was: 

Superintendence    $0,006  ■ 

Loading    0.017 

Transporting O.Oll 

Dumping 0.004 

Total  per  cu.  yd.   $0,037 

The  above  show  low  records  of  cost  for  steam  shovel  work, 
but  they  make  evident  the  economical  features  of  excavating  with 
a,  shovel  of  this  type,  as  small  and  inexpensive  crews  are.  em- 
ployed, and  a  comparatively  large '  output  can  be  obtained  by 
-  Using  the  best  methods,  of  operating. 

Electric  Shovel  on  an  Electric  Railway.  ■.  The  shovel  used  was 
a  14-B  Bucyrus  electric  operating  at  575  volts.  Ai  30-hp.  hoist 
motor  and  two  IS-hp.  swing  and  thrust  motor  equipment  used 
on  this  shovel  with  a  %-cu.  yd.  dipper.  The  shovel  weighs  19 
tons.  The  work  recorded  was  on  the  electric  lines  ^of  the  WiUtes- 
Barre  Ey.  Co.,  and  the  data  given  here  are  taken  from  the 
Excavating  Engineer  for  January,  1915,  and  rearranged  by  En- 
gineering and  Contracting,  Feb.  17,  1915. 

Handling  a'3,500-cu.  pd.  Slide.  In  May,  the  shovel  tackled  a 
3,500-cu.  yd.  slide  on  the  short  line  on  Harvey's  Lake  Division. 
Work  was  started  April  19  and  was  completed  on  May  8.  The 
material  removed  was  hardpan,  loosened  by  the  action  of  the 
frost.  It  contained  a  considerable  amount  of  gravel  and  small 
boulders.  The  latter  running  in  size  up  to  2  and  3  cu.  ft.  When 
dry  this  material  answered  perfectly  the  definition  of  hardpan. 
In  the  winter  months,  the  frost  penetra4;ed  this  slope,  which 
varied  from  20  to  60  ft.  in  height  above  the  track  for  a  distance 
of  about  1,000  ft.  In  the  spring  when  the  frost  came  out,  a 
layer  of  this  materiaj,  averaging  perhaps  1%  ft.  in  thickness, 
slid  down  the  slope,  covering  one  of  the  tracks  to  a  depth  of  from 
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'2  to  10  ft.;  the  outside  track  was  kept  open  ;by  hand  with  some 
difficulty.  When  this  material  was  dried  out  somewhat,  the 
shovel  was  started  at  the  end  of  the  slide,  operating  from  the 
covered  track  and  loading  into  cars  on  the  outside  track. 

Twb  motor  cars  and  two  10-yd.  all-steel  Western  side  air-dump 
cars  were  used.  One  motor  car  was  used  for  spotting  one  car, 
while  the  other  motor  car  was  hauling  the  other  car  to  and 
from  the  dump.  The  distance  to  the  nearest  switch  was  about 
800  ft.  and  the  shovel  was  idle  while  the  spotting  car  was  taking 
the  loaded  car  to,  the  switch  and  returning  with  an  empty.  On 
this  account  considerable  time  was  lost.  The  record  of  a  typical 
day's  run. shows  that  the  shovel  was  in  actual  operation  ,225  min. 
out  of  a  10-hr.  day.  The  material  was  hauled  an  average  distance 
of  about  a  mile  and  dum-ped  along  the  Alls  for  the  purpose  of 
strengthening  the  embankments,  and  preparing  for  a  double 
track.  When  the  cars  were  dumped  the  bulk  of  the  material 
was  precipitated  down  the  side  of  the  embankment.  A  thin 
layer  of  ashes  spread  on  the  steel  bottom  of  the  cars  before 
loading  greatly  facilitated  this -free  dumping. 

Although  probably  not  more  than  209fc  of  the  material  exca- 
vated was  actually  spread  by  hand  on  the  dump,  yet  it  will  be 
noted  that  this  part  of  the  operation  represents  -  nearly  50% 
of  the  labor  cost.  Approximately  3,500  cu.,  yd.  of  material  was 
removed  in  11  working  days.  The  work  was  considei;ably  hin- 
dered by  several  trees  that  came  down  with  the  slide,  whiph 
had  to  be  cut  up  and  removed.  This  material  is :  particularly 
difficult'  and  expensive  to  remove  by  hand,  and  when  wet,  it  is 
almost  "imipoBsible  to  handle  iby  reason  of'  it  adhering  to  the 
'shovels.  The  cost  of  removing  a  smaller  slide  that  occurred  at 
this  location,  the  previous  season,  was  approximately  50  ct. 
per  cu.  yd. 

The  total  cost  of  the  shovel  operation  in  this  instance,  as 
shown  in  the  table  below,  including  spreading  on  the  dumps, 
spotting  cars,  haulingj  etc.,  was  12.15  ct.,  or  less  than  oiie-quarter 
of  hand  labor  coat.  '  One  of  -  the  principal  advantages  of  the 
shovel  was  that  the  material  could  be  handled  when  in  a  semi- 
fluid state,  thereby  making  it  possible  to  get  the  track  in  opera- 
tion. As  an  indication  of  the  output  obtained  under  these  condi- 
tions, on  May  4,  23  (10-yd.)  cars  or  approximaitelyi  345  cu.  yd., 
were  loaded  in  227  min.,  the  shovel  moving  ahead  in  this  time 
36  ft.  On  May  7,  22  (10-yd.)  cars  were  loaded  in  225  min., 
moving  ahead  40  ft.  on  a  curve.  The  material  weighed  125  lb. 
per  cu.  ft. 

The  cost  of  handling  this  slide  as  given  by  Mr.  Hoffman,  steam 
shovel  engineer,  was: 
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'         '  Ct.  per 

.  Ijabor:  ou.  yd. 

Excavating  and  loading   ',......         2.1 

Spotting  cars ■' '......'.:,..:.  .    l.S 

Hauling  and  dumping   1.8 

Spreading  on  dump 4.0 

Total  labor  , :.....         9.2 

Including  supervision,  about 10.0 

Power : 
Estimate  of  power  used  by  shovel  is  160  kw.-hr.  per  day   @   1% 

ct.,  equals  $2.40  per  day,  or  .: ....,,...        0.75 

Power  used  by  motor'  car  hauling  to  and  from  dump  — 175  kw.-  - 

hr.  per  day,  or  .' 0.80 

Total  for  power 1.55 

Repairs,  supplies,  etc.,  were  negligible  on  this  job,  but  assumed  to  average 

12 -per  or  60  ,ct;  per  cu.  yd.  ,  ,- 

,  Ct.  per 

'  Summary:  cu.  yd. 

Labor,  including  supervision   10.00 

Power,  excavating,  and  hauling  (1  mile)  ■  1.55 

Repairs,   supplies,   etc.    .......'....'.' 0,80 

,  ^^    Total 12.15 

Note. —  No  allowance  for  interest  and  depreciation  on  equipment. 

Cost  of  Orading  Side  Cut.  This  was  a  sidehill  cut  about  800 
ft.  lonjg  with  a  depth  on  the  center  line  ranging  from  1  to  6  ft., 
averaging  about  S^  ft.  The  cut  on  the  high  side  iranging  from 
3  to  10  ft.,  averaging  |ibout  6,  ft.  The  cu,t  cpntained  2,450  cu. 
yd,  The  preliminary  worli  consisted  of  grading  a  temporary 
roadbed  parallel  with  and  about  14  ft.  distant  from  the  center 
line  of  the  permanent  track.  Upon  this  temporary  roadbed  the 
ties  and  rails  tvere  laid  and  used  for  hauling  the  material  to 
the  dump,  after  which  the  track  was  thrown  to  its  permanent 
location. 

A  motor  car  and  a  Western  10-yd.  steel  side  dump  car  were 
used  for  hauling  the  material.  The  grade  was  very  steep  and  the 
track  in  poor  line  and  surface,  necessitating  slow  running  to  and 
from  -  dump.  The  power  on  this  line  was  weak  and  very  un- 
satisfactory. It  is  probable  that  the  oiitput  would  have  been 
increased  at  least  one-third,  if  satisfactory  power  had  been  avail- 
.  able.  Generally  the  material  was  loam  and  good  digging.  Shale 
rock  was  encountered,  however,  in'  the  bottom  of  the' cut  and 
about  25%  of  the  material  excavated  was  shale  ranging  from 
soft,  easy  digging  to  very  hard.  The  time  required  to  make  the 
cut  was  12  working  days  during  which  time  the  Shovel  work 
was  delayed  44  hr.  principally  by  lack  of  power.  The  material 
was  dumped  on  a  fill  about  600  ft.  in  length,  ranging  in  depth 
from  2  to  8  ft.,  averaging  about  5  ft.     About  200  lin.  ft.  of  crib 
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trpstle  was  erected  over  the  deeper  portion  of  the  fill.  On  the 
remainder  of  the  fill  the  track  was  laid  on  the  original  surface 
and  gradually  jacked  up  to  grade.     The  cost  figures  follow : 

Per 

Labor :  Total  cu.  yd. 

Grading  for  temporary  track  $  50.00  10.0204 

Moving  shovel  into  position  13.24  -    .0054 

Excavating  and  loading  material  107.74  .0438 

Hauling  and  dumping  material  60.74  ,0247 

Building:  crib  trestle  .;. 25.00  .0102 

Spreading  material  on  dump  and  raising  track  134.20  .0547 

Watchman  (%  of  watchman's  time  charged  to  this  job)  12.80  .0052 

Blacksmith    , 5.90  .0024 

Throwing  track  to  permanent  position  30.00  ,0122  , 

Total    $439,62  J0.1790 

Supervision    43.96  .0179 

Total    $483,58  $0,1969 

Power : 

To  operate  shovel,  1,260  kw,-hrs,  @  114  ct $  18.90  $0.0088 

Hauling  material,  480  kw.-hrs.  @  1>^  ct 7,20  ,0029 

Total $26,10  '  $0.0117 

Summary : 

Labor,'  including  supervision   '. . .  * $0.1969 

Power  (shovel  and  train) 0117 

Total  per  cu,  yd $0.2086 

Note. —  No  allowance  for  interest  and  depreciation  on  equipment. 

Revolving  Electric  Shovel  on  Street  Ry.  According  to  En- 
gine'ering  and  Oontracting,  July  19,  1916,  in  building  its  79th 
St.  line,  the  Cleveland  Railway  Co.  had  to  do  a  considerable 
amount  of  excavation  for'  which  it  employed  an  electrically  driven 
Thew  automatic  shovel. 

This  shovel  4s  of  the  horizontal  crowding  motion  type  and  has 
several  other  features. of  interest.  It  weighs  13  tons,  and  has  a 
dipper  with  a  capacity  of  %  cu.  yd.  and  a  clearance  height  over 
the  ho'jse  of  12  ft.  2  in.  It  is  mounted  on  regular  ca:.'  wheels 
on  which  it  travels  .on  the  car  tracks  and  in  addition  is  equipped 
with  a  set  of  auxiliary  traction  wheels,  33  in.  in  diameter,  and 
15-in.  tread,  which  permits  it  to  run  under  its  own  power  over  the 
ground,  pavement,  or  wherever  it  is  desired  to  take  it. 

The  entire  motive  power  for  traction,  h,oi§]ting  and  swinging 
consists  of  one  20-hp.,  Westinghouse  compound-vpound  550-volt 
direct-current  motor  with  a  starting  and  reversing  control  equip- 
ment.- The  niotor  operates  at  approximately  constant  speed,  the 
Various  motions  being  controlled  through  suitable  friction  and 
gears,     Jhg  purrent  is  usually  admitted,  to  the   shovel   through 
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a  flexible  insulated  cable  connected  to  a  switch  on  the  truck 
frame  knd  transmitted  thvougli  copper  rings  to  brushes  sUs- 
peiided  from  the  swinging  turntable. 

The  use  of  one  motor  appears  to  be  a  particularly  desirable 
feature  for  reducing  the  initial  cost  and  affording  greater  flexi- 
bility of  action  in  the  frequent  reversals  of  the  various  operating 
motions;  it  also  means  the  operation  of  three  levers  instead  of 
three  separate  controllers,  and  a  gain  in  time  over  starting  and 
stopping  three  separate  motors.  It  is  distinctly  a  one-man  ma- 
chine. 

.The  :boom  is  of  the  jackknifc;  type  with  an  adjustable  section 
that  can  easily  be  located,  allowing  the  shovel  to  pass  under 
the  trolley  wire,  without  interfering  in  any  way  with  the  effi- 
ciency of  its  operation.  The  shovel  swings  through  a  complete 
circle,  delivering  the  excavated  material  at  any  desired  point. 

A  buffer  is  furnished  which  takes  up  the  shock  that  occL.rs 
when  the  shovel  strikes  a  hard  piece  of  excavation.     This  allows 
the  shovel  to  be  released  and  relieves  the  whole  machine  from  , 
the  strain  to  which  it  would  otherwise  be  subjected. 

Th  cab  is  cut  away  so  as  to  allow  plenty  of  room  for  passing 
cars,  a  feature  of  particular  importance  when  used  on  street 
railway  work. 

The  cost  was: 

Loading : 

Shovel  man  @  40  ct ?  4.00 

Four  laborers  @  2],  ct 8.40 

Current,  oil,  repairs,  etc 1.50 

Loading  per  day   ' $13.90 

Hauling: 

Four  men   @  26  ct ?lglO 

Four  men    @  19  ct T.60 

Two  men    @  30   ct ■  °  "0 

Hauling  per  day    y    $24.00 

.  .Dumping ; 

One  foreman  @  30  ct ,■■■ I  3.00 

Six  laborers  @  20  ct.   ....•'. • ■ 1^-°° 

Dumping  per  day  •■■;•■••; -  $15.00 

Loading,  Hauling  and  Dumping: 

Cubic  yards  loaded  in  10  hr.  May  8 orH" 

Loading  per  cu.  yd id    J' 

Hauling  per  en.  yd.' ? s  »{' 

Dumping  per  cu.  yd ■■•  ^:°  p^- 

Loading,  hauling  and  dumping  per  cu.  yd 9.8  ct. 

Lineal  fee);  excavated  on  this  work  2,700 

Number  of  10-hr.  shifts  operated  — : ^' 
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Lineal  f eet : exGavated  per  10-hr.  shift  .;.!./ » .•'..     '^SSi 

Cubic  yards, loaded  (place  measure,  per  10-hr.  shiftj; ^  ,  4qQ 

AveragB  loading  cost,  450  yd.  @  $13.90 3      ct.  per  cu.  yd. 

Average  hauling  cost,  450  yd.  @  $24 5%  ct.  per  cu-.yd; 

-Averi^ge  dumping  cost,  450  yd.  @  $25  ., 3%  ct.  per  cu,  yd. 

Average  loading,  hauling' and  dumping  cost 11^3_et, 

Ijength  of  haul,  approsdmately  ......i. .  ..■ 6  miles 

Average  hp.  used  in  moving  shovel , ..;...... "  H'o' 

Maximum  hp.  used  in  moving  shovel 20.2 

Average  hp'.  used  in  operating  shovel '......:  ..■..;  .i.; 11.7 

Maximum  hp.  used,  in  .operating ,  sjiovel  *3-6 

A  Shovel  on  tiie  Boom  of  a  Derrick.  Engineering  and  Cdn^ 
trading,  Nov.  22,  1911,  gives  the  following :  Tig.  70  shows  an 
ordinary  revolviijg  niast  derrick  with  a  new  attachment  known 
as,  the  Bishop's  Derrick  Excavator.  :  ""' 


Fig.  70.    Excavator  Mounted  on  "  A  "  Frame  Tra,veler. 


The  carriage  at  the  base  of  the  dipper  arm  is  made-  of  steel 
plates  and  contains  four  rollers  which  allow  it  to  ruii  up  and 
down  the  boom.  Between  the  two  side  plates  i  and  below  the 
rollers  is  a  cross  channel,  from  which  is  suspended  by  bolts  two 
plates,  one  above  and  one  below  the  stationary  wire  cable  which 
is  attached  to  the  boom  at  the  heel  and  peak.  On  these  plates 
are  cast  iron  grips  to  hold  the  carriage  to  the  wire  when  desired. 
The  end  of  the  dipper  arm  is  provided  with  a  cast  iron  eccentric 
or  cam  shaped  shoe  and  when  the  dipper  arm  is  raised  towards 
the  boom  as  shown  in  its  dumping  position,  the  pressure  is  re- 
leased, and  permits  the  carriage  to  rciU  oh  the  boom,  but  when 
the  dipper  arm  is  released^  as  shown  in  the  digging  position,  the 
'  large  end  of  the  cam  or  eccentric  presses  the  lower  grip  plate 
against  the  wire  and  holds  the  carriage  until  the  dipper  arm  has 
been  raised  sufficiently,  when  the.  small  end  of  the  cam  or 
eccentric  releases. the  grip,  and  the  carriage  follows  up  the  boom, 
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,  I  The  automatic  dumping  arrangement  is^  shown  in  the  illustra- 
tion. Tl;is  is  a  lever  arm  rigidly , attached  to  |the.  carriage,  which 
acts  on  the, lever  shown  attached  to  the  dipper  arm.  Whe?i  the 
dipper  arm,  is  brought  almost  parallel  with  the  boom  these  levers 
come  in  contact  and  the  door  latch  on  the  dipper  is  caused  to 
be  pulled  back7thus  releasing  the  bottom  of  the  dipper.  One  man 
is  required  to  operate  the  shovel  with  a  two-drum  engine  and 
swinging  gear.  One  drum  is  required  to  raise  and  lower  the 
boom  and  the  other  to  operate  the  shovel..  The  operatoj'  slacka 
on  the  digging  line  until  the  carriage  rolls  down  the  boom,  bring- 
ing the  shovel  to  the  desired  position.     He  then  releases  entirely 


Fig.   71.     Keystone   Excavator   Equipped  with   Skimmer.     Boom 
Baised  and  Bottom  of  Skimmer  Dropped  as  When  Dumping. 

and  the  shovel  swings  back  under  the  boom,  the  cam  operates  the 
grip  holding  the  dipper  arm  rigidly  from  sliding  in  the  boom 
and  at  the  same  time  the  boom  is  lowered  and  its  weight  is 
brought  onto  the  dipper.  The  weight  of:  the  boom  is  allowed  to 
rest  on  the  shovel  which  it  is  digging. 

The  excavator  is   made  by   the  Union   Iron  Works,  Hoboken, 

N.  J. 

The  Keystone  Traction  Excavator.  Engineering  and  Contract- 
ing, May  27,  1914,  gives  the  following:  For  :the  Keystone  exca- 
vator three  different  types  of  scoops  are  provided,  namely,  a 
dipper.  Fig.  72;  a  skimmer.  Fig.  71,  and  a  ditcher  scoop,  Fig.  73. 
All  three  scoops  are  about  equal  in  capacity,  holding  approxi- 
mately two-fifths  of  a  yard,  and  can  be  operated  at  about  the 
same  speed,  two  to  three  times  a  minute  in  free  digging. 
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The  "  skimmer  scoop "  has  a  flat  bottom.  It  is  used  largely 
in  street  grading  and  for  comparatively  shallow  excavation.  It 
is  carried  on  rollers  which  slide  along  the  16-ft.  boom.  When 
the  skiinmer  type  of  shovel  is  to  be  uSed  the  dipper  sticks  are 
removed  and  the  tackling  changed.  The  form  of  the  scOop  makes 
it  possible  to' have  a  smooth,  level,  finished  surface  in  grading. 
Since  the  skimmer  sdoop  can  be  moved  11  ft.  along  the  boom,  its 
Operation  in  digging  is  like  that  of  a  drag  scraper. 

The  ditching  scoop   differs  from  the   dipper   and   skimmer  in 


Dipper  Bucket  for  Keystone  E.xcavator. 


shape  and  is  employed  In  making  ditches  for  sewerS,  water  mains, 
etc.  It  is  good  for  a  width  of  15  in.  to  44  in.,  and  a  depth  of 
6  or  8  ft.  The  best  record  with  this  type  of  scoop  was  made 
by  S.  B.  Markley,  contractor  of  Woodlawn,  Pa.,  on  work  at 
Conway,  Pa.  He  dug  in  eight  hours  400  ft.  of  ditch  41^  to  5  ft. 
deep  and  36  in.  wide  at  the  bottom.  In  ditching  work  the  action 
of  the  dipper  scoop  is  reversed,  the  scoop  being  carried  on  a  hinged 
arm  at  the  extremity  of  the  boom,  and  the  machine  being  moved 
backward  as  the  ditch  is  completed. 

The  dipper  scoop  is  similar  to  the  ordinary  steam  shovel.     The 
best  record  hitherto  achieved  with  the  dipper  scoop  was  142  loads, 
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dump  wagons  of  l^-yd;  capacity  being  well  . filled,  dn  6%, hours' 
running  time.  For  short  ^periods  wagons  were  loaded  at  the  rate 
of  one  in  each  one  and  a  quarter  minutes. 

Two  men  are  required  to  'manipulate  the  machine.  ^  The  boiler 
is  36x69  in.  and  is  of  the  inverted  porcupine  style.  The  engjiie 
is  8  X  8  in.  The  weight  of  the  complete  machine  is  about  16,000 
lb.  Its  traveling  speeds  are  1  and  3  miles  pei-  hr.  The  machine 
is  made  by  the  Keystone  Driller  Co.;  Beaver  Falls,  Pa. 


Pig.  73.     Ditcher  Bucket  Equipment  for  Keystone  Excavator. 
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CHAPTER  XII    :  ,, 

METHODS  AN©  COST  WITH  GRAB  BUCKETS  ANDj,   i 
'    .      DUMP  BUCKETS    •       •   . 

For  the  purpose  of  a  study  of  methods  and  cost :  of  ihandling 
earth  in  buckets  the  following  classification  will  be  adhered  to : 

Hqist  Buckets  { Chapter  XH ) . 

a.  Non-IJigging  Dump  Buckets.  . 

1.  Skips. 

2.  Trunnion  Buckets. 

3.  Bottom  Dump  Buckets. 

b.  Digging  or  Grab  Buckets. 

1.  Orange   Peel   Buckets. 

2.  Power  or  Clam-Shell  Buckets. 
Drag  Scrapers  or  Buckets   (Chapter  XIII). 

a.  Non-lifting  power  scrapers. 

b.  Lifting  dragline  buckets. 

Hoist  buckets  are  suspended  from  derricks,  cableways,  or  loco- 
motive cranes  and  are  accordingly  suitable  for  a  wide  range  of 
uses.  Consult  the  "  Handbook  of  Construction  Plant,"  by  R.  T. 
Dana,  for  designs,  prices,  etc.  of  derricks  and  buckets. 

Skips.  These  are  trays  or  shallow  boxes  with  one  side  open. 
Fig.  1.  They  are  of  wood  or  steel,  and  are  suspended  from  three 
points  by  chains  leading  to  -a  ring  which  is  engaged  by  a  hook 
and  suspended  from  the  derrick.  _ 


-       Fig.  1.    Wooden  Skip. 

Cost  with  Skips.  In  foundation  work  it  isi  frequently  neces- 
sary to  use  a  derrick  for  handling  the  earth.  Eithej ,  wop4w 
"skips"  or  iron  buckets  are  filled  with  earth i by  shovelers,  and 
a  man-opeTated,  horse^operated,  or  power-operated  ,  derrick  is 
used  to  lift  the  buckets  out  of  the  way. 
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Work  of  this  character  is  always  expensive  for  only  a  few 
shovelers  can  be  worked  in  the  pit,  and  as  a  consequence  the 
derrick  is  never  worked  to  its  capacity.  The  follbWirig  was  the 
cost  on  one  job :  A  stiff-leg  derrick  with  35-ft.  boom,  and  three 
wooden  skips  (1x4x4  f t. )  constituted  the  plant.  A  team  with 
driver  was  used  to  raise  the  skips.  The  output  in'  soft  digging 
per  10-hr.  day  was  100  cu.  yd.  ' 

6  men  loading  skips'at  $1.50  .'..'. '.*. ;.... $  9.t)0       '     > 

1  man  in  pit  hooking  on  skips   ,     ,1.50. 

2  tagmen  swinging  ^nd  dumping   '       3.00 

1  team  with  driver  < . .  iiVSTi  i^H...:i-. ;1        S.BO 

1  foreman    ....,....,..,. 3.00 

100  cu.  yd.  at  20  ct.  .....: :..    $20.00 

_^  This  was  an  excellent  record,  but  the  digging  was  fairly  easy. 
Four  skips,  made  a  1.5-cu.  yd.  wagon  load,  and  it  took  1.5  min. 
to. load,  hoist,  swing  and  dump  a  skip,  half  of  which'  time  was 
trcoUpjedin  swinging  the  derrick  boom  out  and  back: 

The  setting  up  of  a  small  derrick  of  this  kind  will  take  a  crew 
of  men  3  hr.  or  less  if  the  foreman  knows  what  to  do,  but  we 
have  known  green  foremen  to  be  all  day  getting  the  derrick  up. 
Where  there  are  trees  to  knchor  to,  a  guy-derrick  is  to  be  pre- 
ferred, for  there  are  not  several  tons  of  stone  to  be  handled  as  on 
a  stiff-leg  derrick  which  must  be  weighted  down.  Moreover  a 
guy-derrick  is  quite  easily  shifted  a  long  distance  even  while - 
sta.nding.  Some  contractors  set  the  foot  of  the  mast  of  a  guy- 
derrick  on  a  framework  that  rides  of  skids,  and  it  is  then  easily 
dragged  over  the  ground  even  while  upright.  A  hand  winch  is 
never  to  be  used  if  it  .can  be  avoided,,  for  it  is  too  slow  a  method 
for  moving  earth.  Wagon  i  boxes  of  special  design  are  sometimes 
made  to  be  lifted  off  the  wagon  bed  with  their  load  of  earth  and 
dumped  into  scows.  Wooden  skips  With  two  sides  only  might  be 
loaded  by  drag  scrapers,  then  lifted  by  a,  derrick  and  dumped 
directly  into  wagons  or  into  a  bin  'from  which  the  earth  could  be 
drawn  off  into  wagons.  ^ 

'  Foundation  Excavation  with  Dei?riok  and  Car  Bodies.  The 
construction  of  an  addition  to  the  power  plant  of  the  Indiana 
Michigan  Electric  Co.,  South  Bend,  tnd.,-  was  described  in  ,B«- 
girteering  and  Contracting,  Feb.  28,  1912.  > 

The  excavation  for  each  foundation  was  36  ft.  square,  and  was 
carried  doWn  30  ft.  The  pit  was  tight  sheeted  with'  2  x  l2-in. 
plank,  double  lapped.  The  material  encountered  in  the  excava- 
tion corisisted  of  saiid  and  gravel,  to  a  depth  of  about  20  ft.', 
and  then  of  clay  to  5  ft.  in  depth.  Prom  this  point  ddwij  there 
was   blue   clay,   with    an   occasional   pdcket 'of   quicksand.     The 
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sheeting  was  driven  by  hand,  as  the  excavation  progressed,  by 
two  men  who  were  employed  at  this  work  continuously. 

The  material  was  excavated  by  hand  and  shoyeled,  into  the 
body  of  a  %-cu.  yd.  car.  This  body  was  V-shaped,  and  was 
fitted  with  legs  so  that  it  could  stand  upright  on  the  ground,  or 
oould  be  used  on  rthe,  car.  A  3-way  cliain  was  rigged, sfl, that  the 
ear  body  could  be  swung  from  the  derrick.  In  the  pit  were 
employed  from  4  to  6  men  to  each  bucket,  and  each  man  averaged 
about  i3  cu.  yd.  of  earth  per  day.  There  were  4  or  5  buckets 
used  in  the  pit. 

Trunion  Suckets  Xoading  Wagons  Through  a  Hopper  or 
Table.  J.  C.  Black,  in  Engineering  and  Contracting,  Dec.  11, 
1907,  gives  the  following:  The  work  was  the  digging  of  a  base- 
ment' in  Portland,  Oregon. 

The  property  was  a  corner  lot  100  ft.  square  and  nearly  level, 
and  had  been  occupied  by  some  frame  buildings  at  least  one  of 
which  had  a  cellar  and  stoiie  foundation.  About  8,000  cu.  yd. 
of  material  were  handled,  the  average  total  depth  being  about  ^ 


^m^x 


'<> 


j  £na-Confr. 

^     Fig.  2.    Method  of  Filling  Buckets. 

20  ft.  Alnjost  the  entire  excavation  was  a  mixture  of  yellow 
clay  and  sand  with  a  small  amount  of  loam.  Excavation  was 
begun  at  the  inner  corner  of  the  area  apd  was  rapidly  carried  to 
full  depth  at  that  place,  thus  aflEprding  a  steep  bank  a^inst 
which  to  work.;  A  crane  lifted  the  material  from  the  pit  in 
buckets,  and  dumped  it  on  a  table  or  tipple  from  which  it  was 
loaded  into  wagons.  ' 
A  bucket  to,  be  filled  was  placed  against  the  face  of  the  bank. 
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as  shown  in  the  sketch,  Fig.,  2,  and  was  loaded  partly  by  shovels, 
partly  by  material  picked  fiom  the  face  so  as  to  fall  into  the 
bucket  and  partly  by  slabs  or  spalls  of  earth  pried  from  the  top 
of  the  bank  with  a  crowbar.  This  last  method  was  exceedingly 
effective,  for  the  earth  broke  off  easily,  and  one  man  with  a  bar 
at  the  top  of  the  bank  could  loosen  large  pieces  with  compara- 
tively little  effort.  Sometimes  enough  earth  to  fill  a  bucket  would 
fall  at  once,  while  that  which  fell  outside  the  buckets  was  in  a 
condition  to  be  easily  handled  by  shovels.  It  is  probable  that 
this  method  of  prying  from  the  top  of  bank  would  prove  uneco- 
nomical for  some  classes  of  material,  but  in  this  material  it 
worked  well. 

The  crane  consisted  of  a  35-hp.  hojsting  engine  and  a  wooden 
derrick  frame  mounted  on  a  timber  sledge.  The  maximum  reach 
of  boom  from  center  of  rotation  was  30  ft.,  but,  by  lowesring  a 
bucket  almost  to  the  ground  and  then  having  it  set  swinging  by 
the  men  in  the  pit,  it  was  possible  to  drop  it  some  20  ft.  beyond 
the  end  of  the  boom,  thus-  affording  a  maximum  working  range 
of  80  ft.  from  point  of  loading- to  dump. 

Whesn  necessary  to  remove  the  crane  to  a  new  position  on  the 
work,  :a  cable  was  made  fast  to  something  which  would  serve 
a.<  an  anchor  and  it  was  made  to  move  itself.  Boilers  were  gen- 
erally used  under  the  sledge.  An  hour  to  an  hour  and  a  half 
was  the  time  consumed  in  moving.  Axles  on  which  could  be 
placed  a  pair  of  rear  wagon  wheels  were  fitted  to  the  sledge  near 
"  one  end,  and  at  the  other  was  a  place  for  the  forward  truck  of  a 
wagqn,  thus  making  transportation  from  one  piece  of  work  to 
another  a  very  easy  matter. 

The  5  buckets  were  made  in  Portland.  The  nominal  capacity 
was  35  cu.  ft.  each.  They  were  dumped  by  tilting;  "the  catch 
which  held  them  upright  being  released  by  the  man  at  dumping 
table.  This  table  (Figs.  3  and  4)  or  tipple  was  the  most  inter- 
esting feature  of  the  plant.  .  It  consisted  essentially  of  a  steel 
frame  supporting  two  trays  under  which  the  wagong  to  be  loaded 
were  driven.  The  trays  are  each  abput  1  ft.  deep,  4  ft.  wide 
arid  6  ft.  long,  and  when  closed,  met  at  the  •center  forming  one 
large  tray.  In  dumping,  each  tray  rotated  about  an  axis  of  its 
own  near  its  center,  the  weight  of  the  earth  causing  it  to  dump 
automatically  when  released,  and  the  position  of  its  own  center 
of  gravity  making  it  automatically  return  to  a  horizontal  posi- 
tion after  having  emptied  its  contents.  Its  effect  was  to  "  trim  " 
the  load  so  that  little  or  no  work  was  required  to  spread  it  on 
the  wagons,  while,  the  amount  spilled  was  negligible. 

It  will  be  seen  at'  once  that  the  table  affords  a  storing  place 
for  materials,  and  thus  reduces  the  lost  time  due  to  irregularity 
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in  airival  of  wagons.  Usually  only  one  bucket  of  earth  was 
placed  upon  the  table  at  a  time. 

A  necord  of  wq,gons  was  kept  by  the  dumpman  with  pegs  on-  a 
tally  board  mounted  on  the  table. 

Of  course  this  loader  was  not  so  near  perfection^  but  that>it  was 
occasionally  necessary  to  clean  up  around  it,  especially  as  it  was 


Fig.  3.  ,  Plan,  Front  Elevation  and  Side  Elevation  of  Dumping 
,  Table., 


a  busy  street.  However,  it  reduced  work  of  that  nature  to  a 
minimum;  When  necessary  to  shift  the  position  of  the  table,  a 
timber  yoke  was  fastened  to  the  frame  by  chains,  and  the 
whole  thing  was  moved  by  the  derrick. 

Light  for  the  night  crew  was  supplied  by  three  clusters  of  six 
32-c.p.  incandescents  each,  backed  by  reflectors. 
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Studebaker  dunip  wagons  were  tised,  and,  by  an  extension  to 
the  top,  they  were  made  to  hold  2^  cu.  yd.  each  when  level  full; 
which  shows  that  two  buckejp  of  materia,!  were  required  per  load. 

The  cost  of  the  plant  was  approximately  as  follows : 

Locomotive  crane   (including  cable)    ?4,500 

Five  buckets  at  $145  725 

Loading  table    .....i.ii 600 

Total  (exclusive  of  small  tools)   $5,725 
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Two  crews  of  equal  ^ize  were  employed  most  of  the  tjme,-.a  total 
dally  force  being  about  as  shown  in  the  table.  The  rates  of 
wages  are  assumed,  and  would,  of  course,  vary  from  time  to  time, 
and  with  location. 

Two  foremeii,  at  ?4  per  day  t  8.00 

Two  engineers,  at  $4  per  day ; -,  8.00 

Two  firemen,   at  $2.50  per  day   5.00 

Two  signalmen,  at,  $2^50  per  day . ,  5-00 

Two  hook  tenders,  at  $1.75  per  day ]  3.50 

Two  dumpmen,  at  $1.75  per  day  3.50 

Thirty  laborers,  at' $1.75  per  day  52.00 

Total  daily  wages   $85.50 

One  man  sometimes  acted  as  both  signalman  and  hook  tender. 
Assuming  other  daily  expenses,  we  have: 

Labor     ! $85.50 

Fuel,  oil  and  supplies 5.00 

Repairs ,.  ■ .        5.00 

-Total    .,, $97.50 

The  average  daily  output  was  500  cu.  yd. ,  for  the  two  crews, 
which  gives  a  cost  per  cu.  yd.  of  nearly  20  ct.,  loaded  on  the 
wagons.  Each  -of  the  30  laborers,  therefore,  averaged  nearly  17 
cu.  yd.  per  day. 

The  following  ■  details  are  from  data  obtained  by  personal  ob- 
servation at  various  times: 

LOADING  BUCKETS 

(All  Buckets  Filled  Heaping  —  35  Cu.  Ft.  Struck  Measure) 

Bucket  Labor  Time 

No.  Min.  Sec. 

1  —  3  men   shoveling    . .' , 3  50 

2  —  4  men.  shoveling    ^ 4  45 

3  —  3  men   shoveling    .'...;...  5  10 

4  ^  3  men  shoveling  and  picking .r. ...-■..  5  30 

5  —  2  men  shoveling,  1  man  picking  '. '. .  4  55 

6  —  3  men  sl^oveling    -. .',...  3  45 

7  —  2  men  shoveling  and  picking,,  1  man  barring -from- top.;.., .  3  15 

8  —  2  men  shoveling,  1  .man  picking  from  face  into  bucket."^..'..  4  00 

9  —  1'  man  Shoveling,  2  men  picking  from  face  into  bucket 

10  —  2  men  shoveling,  1  man  picking  and  barring  3  45 

11  —  1  man  shoveling,  1  man  picking  into  bucket,  1  man  barring    3  50 

12  —  2  men  shoveling,  1  man  barring  down  from  top   '. ..    5  00 

Total,  28  men  shoveling,  10  men  picking  and  barring 50  53 

Average  2\^  men  shoveling,  5-6  men  picking  and  barring  4  15 

This  is  equivalent  to  a  bucket  of  earth  loosened  and  loaded  by 
one  man  in  13%  minutes. 
Data  on  time  consumed  in  handling  buckets  are  as  follows: 
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Seconds  of  time  Total 

t>i^  ,  time 

p."  J  -J  '    .  for 

as  £  »         liandling 

"u|  •Sg'S  -gjalS  one  ■§ 

HI  g||        ^         g|l  ''-''''»•  g 

SB'S  ■■So'g  &  1*^  S 

5a«  oS«  =*  o?a  B  S  £ 

►jg°  «S2  «■  «Si  a  in  :■§ 

No.    1 43  15  13  12  1  23  180 

2 45  17  8  10'  1  20  180 

3 '.  60  20  10  15  1  45  270 

4 38  18  .14  18  1  28  270 

5 37  18  12  10  1  17  200 

6 50  18  8  12  1  28  200 

7 62  15  10  10  1  37  270 

8.. 43  17  15  10  1  25  270 

9 44  16  10  15  1  26  240 

10 45  15  20  11  1  31  240 

11 42  18  19  18  1  37  270 

11  buckets  handled         509  187  139  141  16  16  200 

Average     46  17  13  13  1  29      "    200 

This  indicates  that  the  time  required  to  handle  one  "bucket 
is  approximately  11^  minutes,  so  that  barring  delays  40  buckets 
of  52  cu.  yd.  would  be  the  maximum  hourly  capacity  of  the  crane. 

The  owners  of  the  plant  are  much  pleased  with  its  operation 
and  are  going  to  give  it  a  trial  with  three' 8-hr.  shifts. 

It  will  be  seen  that  the  -plant  is  of  low  first  cost,  is  adapted  to 
the  handling  of  a  variety  of  materials,  is  economical  of  time,  and 
'  affords  a  great  saving  in  the  wear  and  tear  on  teams  and  wagons 
which  results  from  hauling  out  of  an  excavation.  This  last  point 
is  considered  by  Mr.  Cook  to  be  the  greatest  advantage  of  the 
system. 

Bottom  Dump  Buckets.  These  are  more  suitable  for  handling 
concrete  than  earth.  Where  present  on  a  job  for  the  former 
purpose  they  are  often  used  for  removing  the  hand  excavation  to 
neat  lines.     For  this  work  they  possess  no  advantage  over  skips. 

Three  Types  of  Buckets  on  Sewer  Work.  According  to  £% 
gineermg  and  Contracting,  June  29,  1910,  bucket  excavation  was 
employed  in  digging  2,723  ft.  of  the  Northwestern  Trunk  Sewer 
at  Louisville,  Ky. 

The  main  plant  for  this  contract  consisted  of  three  ten-ton 
Browning  locomotive  cranes,  two  of  which  were  equipped  with 
automatic  buckets.  One  orange-peel  of  1  cu.  yd.  capacity  and 
one  clamshell  of  %  cu.  yd.  capacity  are  used.  The  cranes  run 
on  standard  gage  track  of  60  and  65-lb.  rails.  The  track  is 
laid  along  the  trench  for  600  ft.  On  account  of  there  being  plenty 
of  good  sand  in  the  trench,  it  is  screened  and  usedfor  the  con- 
crete.    The  screen  used  consists  of  a  framework  placed  opposite  ~ 


566      HANDBOOK  OF  EARTH  EXCAVATION 

to  one  of  the  cranes.  This  crane  dumps  part  of  the  sand  into 
the  hopper  at  the  top  of  the  screen  and  the  sand  and  rejections 
are  carried  by  chutes  to  separate  piles  15  or  20  ft.  away  from 
the  trench, 

In  opening  the  trench  horse  scrapers  were  used  and  enough 
of  ^he  trench  was  excavated  in  this  way,  and  used  for  filling  in 
low  land  near  by,  to  take  up  the,  amount  which  would  necessarily 
have  to  be  spoiled.  An  average  of  half  a  dozen  teams  were  used 
on  this  work  with  one  team  acting  as  a  snap  team.  The  longest 
haul  was  about  100  yards.       ' 

.  Easodvation  und  BdtckfiU.  -  The  cranes  operate  a;bout  as  follows : 
Crane  No.  1  Is  equipped  with  an  Owens  clamshell  bucket  and 
takes  out  the  cut  to  a  depth  of  about  10  or  12  ft.  The  sheeting 
is  started  as  soon  as  practicable  and  crane  No.  2  equipped  with  a 
%'cu.  yd.  bucket  takes  out  the  balance  of  the  cut.  The  cranes 
dump  all  excavated- material  in  a  spoil  bank  except  the  sand, 
which,  is  dumped  on^  the  screen  by  crane  No.  2.  Crane  No.  3 
brings  up  the  rear  of  the  work  and  does  all  the  backfilling  and 
pulling  of  timbers  and  sheeting. 

Progress  and  Costs.  Progress  and  costs  of  various  parts  of 
the  work  are  interesting.  The  working  day  is  10  hr.  Crane 
No.  ■!  operates  a  ^-cu.  yd.  Owens  clamshell  bucket  and  averages 
400  buckets  in,  10  hr.  or  200  cu.  yd.  This  bucket,  handles  a  full 
half  yard  at  each  operation.  The  labor  cost  qn  this  machine 
is  as  follows: 

1-  eiigineman  at  $  3.50 

1  jfireman    , 2.00 

1  tagman 1.75 

1  signalman     1.75  ■ 

Cost  of  labor  for  200  cu.  yd.  (clay) J8S.90 

Cost  of  labor  per  cu.  yd.,  $0,045. 

The  second  crane  handles  sand  in  a  %-cu.  yd.  dump  bucket 
filled  by  hand.  It  handles  300  buckets  or  225  cu.  yd.  a  day. 
The  labor  cost  on  this  is. as  follows: 

1  engineman    $3.50 

1  fireman    ~. 2.00 

1  foreman    2.00   . 

8  men  in  bottom  at  $1.75  14.00 

Cost  of  labor  for  225  yd $21.50 

This  gives  a  cost  of  labpr  for  1  cu.  yd,  of  $0,095.  fhe  third 
or  backfill  crane,  operates  a  1-eu.  yd.  orange-peel  bucket  and 
handles  500  cu.  yd.  of  material  in  10  hrs.  The  cost  of ,  labor  back- 
filling is  as  follows :.  ,, 
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1  engineman    $  3.50 

1  fireman     , 2.00   ' 

1  signalman     .' ,       1.75' 

Labor  cost  backfilling,  600  cu.  yd {  7.25 

Labor  cost  per  cu.  yd.  of  backfilling,  $0.0145. 

This  crane  when  not  backfilling,  pulls  timbers  and  sheeting. 
The  average  amount  of  coal  used  by  one  crane  in  a  day  is  1,200 
lb.  Run-of-mine  coal  is  used  at  $4  per  ton.  About  160  gal.  of 
water  are  used  per  ctane  per  day.  The  cranes  e£|.ch  cost  $5,000 
new  and  their  annual  interest  and  depreciation  is  figured  by  the 
contractor  at  30%. 

The  average  wages  paid  upon  this  work  are  as  follows: 

Superintendent,  per  month    $135.00 

Street  foreman,  per  month    80.00 

Carpenter  foreman,  per  month   80.00 

Concrele  foreman,   i)er  month   80.00 

Timber  foreman,  per  month  , 80.00 

Team  foreman,  per  month  80.00 

Man  in  charge  of  all  form  work,  per  month  135.00 

Timekeeper,   per  month    ■. , 60.00 

Water  boy,  per  day 1.00 

Stud  men,  per  day  ; 2.00 

Cai'pentei's,    per   day    2.50 

Concrete  men,  per  day  2  00 

Timbermen,   per  day    2.00 

Crane  engineers,  per  day  ; 3.50 

Crane  firemen,  per  day   .-^ „. 2.00 

Laborers,  per  day 1.75 

Blacksmith,  per  week 20.rtO 

Blacksmith's  helper,  per  week  15.00 

Teamsters,   per   day 2.00 

Orange-Peel  Buckets.  These  are  made  in  two  forms  and  in  a 
great  variety  of  sizes.  The  bucket  with  four  segments  is  suitable 
for  excavating  loose  material  in  which  it  will  sink  of  its  own 
weigjht.  Where  the  material  will  not  permit  this,  the  orange- 
peel  does  not  fill  so  well  as  does  the  grab  bucket. 

The  second  type  of  orange-peel  bucket  is  made  with  three  , 
segments  and  is  most  suitable  for  excavating  where,  toeks  and 
logs  have  to  te  handled.  It  willgrapple  and  hang  oh  to  anything, 
that  gets  between  its  jaws.  Buckets  of  this  type  are  made  up  to 
6  cu.  yd.  capacity,  and  strong  enough  to  handle  a  lO-toh  rock. 
At  the  other  extreme  of  size,  four  segment  buckets  have  been 
made  small  enough  to  clean  oiit  12-in  pipes. 

Work  of  an  Orange-Peel  Bucket  at  Massena,  N.  Y.  The  ex- 
cavation for  the  foundations  of  power  house  was  described  in 
Engineering  News,  Dec.  15,  1898.  The  work  was  accomplished 
by  a  steam  shovel  working  in  the  pit,  and  a  land  dredge  with  an 
orange-peel  bucket  operating  from  the  bank.  Both  machines 
loaded  into  dump  cars  hauled  by  locomotives.     The  orange-peel 
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excavator  dug  35  ft.  deep  in  very  homogeneous^  cheeBe-like,  cky. 
With  a  1-cu.  Yd.  bucket  the  daily  output  in  10  hr.  was  600  eu. 
yd.  The  total  labor  cost  of  operation  was  $20,  giving  a  labor 
cost  of  '3%  ct.  per  cu.  yd. 


Fig.   5.     Orange-Peell   Bucket   Made   by  the   Hayward   Company, 
50  Chuich  St.,  New  York. 

Cost  of  Excavating  Trench  with  Orange-Peel  Bucket.  In  En- 
gineering-Contracting, ^pril,  1906,  a  detailed  description  is  given 
of  the  plant  and  ijiethods  used  in  building  a  large  sewer  in  Chicago 
by  :City  forces.  For  part  of  the  work  a  1  cu.  yd,  orange-peel 
bucket  was  used.  A  traveling  derrick,  on  rollers,  was  used.  It 
was  designed  to  swing  in  a  full  circle.     The  crew  was: 

.  Per  day 

1  englBeman    f  4.80 

i  fireman 2.50 

1  signal :  man 3.25 

1  powder  man 3.25 

2  laborers  at  ?3.25   6.50 

Total  per  day |20.30 
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Under  ordinary  conditions,  the  orange-peel  bucket  excavated 
about  450  cu.  yd.  a  day,  all  earth  being  dumped  on  a  spoil  bank 
at  one  side. 

On  the  assumption  that  450  cu.  yd.  were  excavated  per  day, 
■the  labor  cost  was  4.5  ct.  per  cu.  yd.  About  50  lb.  of  dynamite 
and  %  ton  of  coal  were  used  each  8-hr.  day.  The  cost  of  the 
dynamite  was  $7.50  and  the  coal  cost  $3  per  ton,  making  the 
total  cost  for  dynamite  and  coal  $9.75.  The  total  cost  per  day 
for  excavating  thus  was  $30.05 ;  and  the  cost  per  cu.  yd.  was 
0.6  ct.,  exclusive  of  the  wear  and  tear  on  the  machine. 

In  this  excavation  the  swinging  derrick  with  the  orange-peel 
bucket  could  be  worked  to  better  advantage  than  a  steam  shovel, 
inasmuch  as  it  could  work  between  the  bracesj  which  were  11  ft. 
centers.  The  bracing  was  placed  as  the  excavation  proceeded,  and 
when  the  trench  excavation  was  completed,  the  braces  were  all  in 
place.  By  the  use  of  the  derrick  the  excavated  material  could  be 
deposited  far  enough  from  the  trench  so  as  not  to  necessitate 
rehandling.  In  the  case  of  a  steam  shovel  It  would  have  been 
necessary  first  to  put  in  a  temporary  bracing,  and  a  permanent 
bracing  afterwards.  Also,  the  boom  of  a  steam  shovel  would  not 
be  long  enough  to  deposit  the  excavated  matter  the  necessary 
distance  from  the  trench. 

Cost  of  Excavating  Sand  in  Trench  with  an  Orange-Feel 
Bucket.  Engineering  and  Contracting,  July  15,  1908,  gives  the 
following.  In  the  construction  of  District  Sewer  No.  1  for  the 
town  of  Gary,  Ind.,  built  by  the  Green  &  Sons  Co.,  of  Chicago, 
the  preliminary  excavation  for  the  first  1,830  ft.  was  done  with 
a  Hayward  orange-peel  bucket  of  %  cu.  yd.  caj)acity.     The  bucket 

- — x'ff' 


Fig.  6.     Crqss-Section  of  Cut.   . 

was  operated  by  a  25-hp.  boosting  engine  and  a  separate  swinging 
engine.  The  machine  was  mounted  on  rollers  and  moved  forward 
with  its  own  power  by  means  of  a  "  dead  man  "  ahead.    . 

The  material  removed  consisted  of  fine  sand  of  the  kind  preva- 
lent throughout  the  Calumet  region,  the  last  3  or  4- ft.  of  excava- 
tion being  in  water.  The  cut  was  in  cross  section  as  shown  in 
Fig.  6. 

The  crew  consisted  of  one  engineman  at  $6  per  day,  one  fore- 
man at  $3.50  per  day  and  five  laborers  at  $1.50  per  day  who 
handled  planks  and  rollers,  built  up  runways  for  the  machine 
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in  rough  ground,  and  smoothed  up  the  cut  and  left  a  smoothshelf 
for  the  workmen  folio-wing  up  the' dipper.  This  makes  a  total 
labor  coat  of  $17  per  9-hr.  shift.  The  coal  consumption  averaged 
$5  per  day,  making  a  total  cost  per  shift  of  $22, 

The  work  was  begun  April  2  and  the  first  1,830  ft.  were  com-- 
pleted  May  21,  making  43  working  days.  The  machine  was  shut 
down  five  days  for  repairs,  and  there  was  a  night  crew  on  for 
13  additional  shifts.     This  makes  a  total  of  51  complete  shifts-. 

51    shifts    at    ?22 ..'.....'. |1,022.00 

5  days'  extra  pay  for  engineer  and  fireman  (during  repairs) 47.50 

Cost  of  oil  and  extra,  ^elp  on  repairs,  about  ,-,^-.i.;..- 65.00 

Total .:..;... .1.' ...:....    $1,134.50 

The.  total ,  nunaber  of  yards  removed  was,  21,250,  making  a  net 
cost  of  5.3  ct.  per  cu.  yd. 

Clam-Shell  Buckets.  These  are  also  called  grab  buckets.  They 
are  made,  in  a  great  variety  of  forms,  special  designs;  being 
offered  by  the  manufacturers  for  almost  every  service.  In, gen- 
eral, an  extyailine  besides  the  hoisting  line  is  i  required  to  manipu- 
late the  bucket.  However,  most  manufacturers  are  now  offering 
bucket?  ,that  operate  on  a  sijigle,  line,  a,  hand  line  being-  used 
for  dumping. 

A  single  line  buqket  made  by  Edgar  E.  Brosius,  Pittsburg, 
Pa.,  is  shown  in  Fig.  7.  It  ia  made  in,  the.  following  sizes  and 
Wjeights:  [ 

Size.  -Weight 

•    '••'•<    -%'cu.  yd.-  1,200  Ih.       I.;.    .  - 

.,.;  .     %  ci>.  yd.  2,600, lb 

1  cu.  yd.  3,000  lb. 
1%  cu.  yd.  4,000  lb. 

2  cu.  yd.     '  --5,000  Ih. 

3  cu.  yd.  6,000  lb. 

A  similar  grab  bucket  is  made  by  the  Brown  Hoisting  Ma- 
chinery Co.,  of  Cleveland,  0.  This  bucket  is  especially  useful 
where  frequent  changes  have  to  be  made  from  bucket  to  hook. 

Another  type  of  grab-bucket  is  handled  with  a  single  line  and 
is  equipped  with  a  motor  for  opening  and  closing.  It  has  the 
advantage  of-  being  able  to'  dump  its  load  gradually,  an  advan- 
tage not  possessed  by  other  single  line  grab  buckets. ' 

Grab-buckets  are  more  suitable  than  orange-peel  buckets  for 
excavating  hard  material.  The  edges  are  frequently  provided  with 
teeth,  and  the  scraping  action  of  the  bucket  in  closing,  together' 
with  its  weight  and  the  great  force  that  can  be  exerted,  insure 
good  filling.    '  ,  1  i  ' 

The  Fogarty  Excavating  Bucket  requires  an  engine  with  two 
working  drums,  one  for  the  hoisting  line  and  one  for  the  closing 
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Hne.  Otherwise  it  can  be  used  on  any  type  of  crane  or  derrioTc 
ear.  It  is  directly  attached  to  the  derrick  boom  instead  of nheiiig 
suspended.  This  bucket  is  nlade  by  Rochester  Excavatihg'Ma- 
chinery  Co.,  Rochester,  N.  Y. 

Clamshell  Bucket  Excavation  on  Boston  Subway.  Engvneering 
News-Reeord,  Jiine  7,  1917,  gives  the  following:  The  top  22  ft. 
of  a  timbered  cut  for  section  (J  of  the  Dorchester  tunnel  in  Boston 
has  been  taken  out  with  a  traveler  and  clamshell  bucket,  i  keep- 


Pig.  7.     Brosius  Single  Line  Grab  Bucket,  Closed  Position. 


ing  pace  with  two  brdinary  hoisting  rigs  removing  the.  lower 
lift  and  requiring  only  a  small  crew  for  its  operation.  It  was 
possible  to  close  the  street,  and  the  traveler  moved  down  the 
middle  of  it  ahead  of  the  cut,  taking  out  sections  25  ft.  in  length 
at  a  time.  The  dirt  was  disposed  of  in  backfill  -  or  on  a  reinted 
dump  by  Industrial  cars  and  two  small  locomotives. 

A  large  A-frame  derrick  has  taken  out  the  greater  part  of  the 
excavation  in  sections^  the  full  35-ft.  width  of  the  cut,  25  ft. 
long  and  22  ft.  deep.  Although  this  rig  is  equipped  virith  a 
Fogarty  bucket,  it  does  not  have  the  extra  boom  generally  used 
to  bear  down  on  the  bucket  and  increase  its  digging  power.'  This 
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is  not  found  necessary,  and  the  derrick  la  rigged  with  a  three- 
drum  engine  and  swinging  gear  in  the  ordinary  manner. 

No  longitudinal  braces  aire  used- in  the  upper  part 'of  the  exca- 
vation, so  that  the  bucket  can  be  operated  between,  the  cross- 
braces  freely.  These  are  10  x  12-in.  pihe  timbers,  spaced  4  to  5 
ft.  apart  vertically  and  10  ft.  apart  horizontally.  The  sides  of 
the  cut  are  held  by  3-in.  sheeting  driven  by  hand  or  with  a  small 
air  hammer.  Poling  boards  are  used  on  part  of  the  westerly 
side  of  the  cut,  as  there  is  not  room  to  drive  the  sheeting  outside 
the  industrial  track. 

The  lower  part  of  the  cut  is  excavated  by  hand,  loaded  into 
ordinary  skips  and  taken  to  derricks,  which  dump  the  skips  into 


Pig.  8.     The  Fogarty  Excavating  Bucket.     Note  Crowding  Line 
for  Hard  Surface  Grading. 

ears.  During  the  time  covered  by  the  cost  data  given  herewith, 
two  of  these  derricks  would  fill  five  dump  cars  while  the  traveler 
was  filling  Hve  more.  The  ten  cars  were  then  hauled  to  the 
dump  or  to  the  backfill  by  a  locomotive.  The  dump,  which  was 
at  one  end  of  the  job,  was  leased,  and  the  industrial-railroad 
equipment  used  to  reach  it  and  the  backfill  comprised  about  3,000 
ft.  of  track,  25  Koppel  dump-cars  of  l^yd.  capacity  and  a  Koppel 
steam  locomotive,  in  addition  to  a  Plymouth  gasoline  engine. 

The  material  excavated  by  the  traveler  consists  of  12  ft.  of 
gravel  fill,  a  layer  of  peat  and  successive  layers  of  sand  and  clay. 
One  small  brick  sewer  encountered  and  a  larger  brick  intercept- 
ing sewer,  which  last  had  to  be  broken  up  with  sledges,  were 
readily  removed.  The  creW  required  with  the  traveler  consists 
of  a  foreman,  an  engineman,  two  bracers  and  nine  laborers.  This 
gang  could  remove  an  average  of  65  yd.  of  material  in  an  8-hr. 
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shift.  Accurate  costs  kept^  on  this  work  for  one  month  in  Janu- 
ary and  February,  1917,  indicate  a  direct  cost  of  $1.47  per  yd. 
for  excavating  the  material  and  placing  it  in  backfill,  which 
cost  slightly  more  than  carrying  it  to  the  dump,  on  account  of  the 
greate*  labor  required  in  spreading. 

COST  OF  EXCAVATING  WITH  CLAMSHELL 

Rent  of  equipment,  fuel   $037 

Superintendent,    timelceeper,    foreman ,     ,12 

Labor,  engineer,  bracers '     .51 

,       Repairs   and   incidentals    ,        .03 

Insurance   V.'.>.. ' \. j07 

,    Lumber  (bra,cing  and  sheeting)    .12 

Pumping    .' 09 

Hauling  equipment,  rent,  fuel  ■   .08         , : 

Hauling,  labor^-  insurance 09  ' 

Lease  of  dump   '.....       .06 

Dumping  and  spreading  in  backfill,  .labor,  insurance..:      .13 

Total  direct  cost  per  cu.  yd.  . .'. ¥1.47 

The  figures  for  rental  equipment  given  in  the  table  assume  the 
new  cost  of  the  entire  traveler  rig  as  $4,000,  on  which  basis  $42 
per  week  as  rent  for  this  equipment  is  charged  to  the  work 
continuously,  whether  the  equipment  is '  idle  or  not.  The  esti- 
mated new  cost  of  the  hauling  equipment  is  $6,200,  and  $54  per 
week  rental  is  allowed  for  it.  Coal  is  figured  at  $6  per  ton, 
the  wages  of  an  engineman  at  $4  per  day,  bracers  at  $3.20  per 
day,  and  labor  at  $2.25  per  day  of  8  hr.  On  this  part  of  the 
work,  lumber  is  used  very  economically,  the  bracing  serving 
four  times  and  the  sheeting  twice.  Both  kinds  of  lumber  will 
have  a  large  salvage  value  at  the  end  of  the  job,  and  on  this 
account  $10  per  M  is  charged  for  the  lumber  each  time  it  is 
used. 

During  the  time  these  data  were  taken,  five  days  were  lost  on 
account  of  stormy  and  extremely  cold  weather^  and  one  day  on 
account  of  repairs  to  i  the  derrick.  The  costs,  of  course,  are 
increased  by  frost  and  cold  in  comparison  with  warm  weather 
costs  for  the  same  work.  Data  kfpt  during  February  and  March 
on  the  cost  of  taking  out  about  1,400  yd.  of  excavation  from  the 
lower  20  ft.  of  the  trench,  the  part  not  excavated  by  the  traveler, 
indicate  a  direct  charge  .of  $2.39  per  yd.  for  handling  the  ma- 
terial in  the  old  way.  Although  bad  weather  interfered  con- 
siderably with  these  operations  and  the  amount  excavated  was 
scarcely  enough  to  give  average  figures,  the  result  at  least  indi- 
cates that  the  relative  cost  by  the  traveler  method  is  much  lower 
than  in  excavating  by  hand.  Three-quarters  of  the  whole  cost 
of  pumping  is  charged  to  the  lower  portion,  and  all  the  cost  of 
the  tongue-and-groove  sheeting  left  permanently  in  place. 
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COST  OF  EXCAVATING  SECOND  LIFT  BY  HAND 

Kent  of  equipmentj  fuel  .!.., ''.' $0.13 

Supervision    L'J. :  .■ ; ., .i. 21 

,  Labor,    engineer,,  bracers , i  ,92 

Air,   hammers,   repairs .13'    '" 

Pumping    ; 23  '  .  < , 

Insurance    11 

Lumber  left  in  place  27 

Haul ;..; .17 

Dumping     22 

Total  direct  cost  per  cu.  yd ; $2.39 

Bibliography.  "  Handbook  of  Construction  Plant,"  Richard  T. 
Dana. — "  Excavating  Machinery,"  A.'  B.  McDalliel. — "  Cost'  Data," 
H.  P.  Gillette. 

"  A  Truck  Mounting  for  Stiff-Legged  Derricks,"  Eng.  amd  Con., 
Feb.  7,  1912.  ,  ' 


CHAPTEK  XIII 
METHODS  AND  COST  WITH  CABLEWAYS  AND  GONVEYORS 

Cableways  properly  include  only  those  means  of  haiulage  wherein 
the  load  is  suspended  beneath  a  cable: by  means  of  a  carriage  whose 
grooved  wheels  run  on  top  of  the  caible.  Data  on  hauling  cars 
by  cables  will  be  found  in  Chapter  X. 

Cableway.  The  term  cableway  was  coined  in  order  to  indicate 
an  aerial  transportation  machine  in  which  the  single  load  was 
hoisted  as  well  as  transported  on  a  single  strand- of  cable.     The 


Fig.  1.     Standard  Cableway  Carriage,;  ,, 

term  ;" aerial  :tramway.":  applies  to  a.,, machine-  in,  which,  tb? 
loads,  often  small  and  numerous,  aire  hauled  along  a  fixed  tra,Gk 
by  a  moving  traction  rope.  On  the  aerial  tramway  the  carrier 
may  be  arranged  to  pass  the  towers  or  other  supports, ,  a;»d  this 
is  one  of  the  ! distinctive  .points  of,  difference  between  an  aerial 
tramway  and  a,  cableway.  ;  In  the  aerial  tram^vay,  the  cables,  are 
tightened  by  means  of  weights  or  similar  tension  device,  but  in 
the  case,  of  the,  cqasting  or -gravity  cableway  no  tension  devices 
are  required. 

575 
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A  cableway  consists  essentially  of  a  ,main  cable  suspended 
between  two  towers  or  anchorages,  serving  as  the  track  for  a 
trolley  carrying  the  load.  This  load  is  pulled  back  and  forth 
by  smaller  cables.  Where  the  track  cable  is  so  arranged  that  the 
slack  may  be  increased  or  diminished  at  the  will  of  the  operator, 
thereby  directly  raising  or  lowering  the  load,  the  machine  is 
termed  a  "slack  cableway."  Similarly,  when  one  end  of  the 
cableway  can  be  raised  or  lowered  so  that  the  load  may  slide 
through'  gravity  to  the  other  end,  the  machine  is  termed  a 
"  coasting  "  or  "  gravity  cableway."  When  the  loads  on  a  cable- 
way  are  all  to  be  carried  in  one  direction  it  will  often  pay  to 
have  the  dump  end  of  the  cableway  at  a  lower  point  than  the 
loading  end. 

Another  type  of  cableway  is  that  in  which  the  track  cable  is 
also  the  hauling  and  return  cable,  the  cable  being  continuous 
from  one  end  of  the  span  to  the  other  and  back  again.  The 
bucket  is  either  firmly  fastened  to  the  cable  or  .held  in  place  on 
it  by  friction. 

The  Economic  Use  of  cableways  is  limited  by  the  following 
conditions:  (1)  A  sufficient  quantity  of  work  to  pay  the  cost 
of  the  first  installation,  plus  the  cost  of  ensuing  removals  and  re- 
installations, and  (2)  a  sufficient  quantity  of  work  within  the 
length  of  span  and  within  economical  reaching  distance  each 
side  of  the  cableway  to  repay  the  cost  of  one  installation  and 
removal.  These  conditions  are  often  fulfilled  on  trench  and 
canal  excavation  and  in  the  construction  of  dam  foundations. 

Cableway  Costs.  The  cost  of  a  cableway  depends  upon  the 
length  of  span,  height  and  type  of  towers,  and  the  quantity  and 
kind  of  power  required.  In  general,  a  cableway,  designed  to 
operate  in  earth  excavation  or  for  conveying  buckets,  costs  from 
$8  to  $15  per  ft.  of  span,  for  spans  of  400  to  800  ft.,  and  from 
$6  to  $12  per  ft.  of  span,  for  spans  of  1,000  to  2,000  ft. 

A.  Duplex  Cableway  (two  complete  cables,  15  to  20  ft.  apart, 
on  common  towers)  will  cost  about  $11.50  per  ft.  of  span,,  for 
spans  of  2,000  ft.,  when  the  towers  are  from  75  to  130  ft.  high. 

Cableway  Systems.  F.  T.  Eubidge,  in  Engineering  and  Con- 
tracting, Jan.  8,  1908,  gives  the' following :  Mr.  Rnbidge  defines 
an  inclined  cableway  as  one  having  sufficient  inclination  so  that 
the  power  required  to  hoist  the  load  is  less  than'  that  required 
for  conveying.  This  enables  the  use  of  a  single  rope  for  both 
hoisting  and  conveying.  Where  the  inclination  of  the  cableway 
is  less  than  this,  it  is  classed  as  horizontal,  though  the  ends  of 
the  span  may  be  at  difl^erent  levels. 

Horizontal    Cableways.     In    this    systemj    in    addition    to   the 
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cable  and  carriage  that  travels  upon  it,  there  must  be  provided 
independent  means  for  hoisting  and  conveying  the  load. 

In  the  case  where  the  motor  is  installed  upon  the  carriage,  the 
latter  is  propelled  by  gearing  to  the  sheaves  traveling  jipon  the 
main  cable.  As  a. cable  with  both  ends  lixed  takes  the  approxi- 
mate form  of  an  ellipse,  it  would  be  impossible  for  the  carriage 
to  climb  the  steep  part  of  the  curve  at  either  end.  To  overcome 
this,  the  bents  or  towers  are  free  to  move  at  the  top  in  the 
direction  of  the  cable  and  they  are  so  weighted  that  the  main 
cable  is  under  constant  tension.  This  causes  the  carriage  to 
travel  an  approximately  uniform  grade.  This  device  is  called 
the  Balanced  Cable  Crane.    The  fact  that  the  cable  must  suataia 


Fig.  2.     Balanced  Cable  Crane  Horizontal  Cableway. 

the  additional  weight  of  the  motor  and  motorman  is  a  disad- 
vantage, but  in  many  cases  it  is  offset  by  the  advantage  of  having 
the  operator  close  to  the  points  of  loading  and  dumping. 

Arrangement  of  Hoisting  and  Conveying  Ropes.  In  cases  whete 
the  engine  or  motor  is  located  at  the  end  of  the  span,  ropes  in 
addition  to  the  main  cable  are  necessary,  the  one  for  hoisting,  the 
other  for  conveying.  When  an  orange-peel  or  other  self-fllling 
bucket  is  used,  a  third  rope  and  an  extra  drum  on  the  engine 
must  be  provided. 

Figs.  3,  4  and  5  show  three  diflferent  arrangements  of  ^hoisting 
and  conveying  ropes  which  have  Ijeeri  adopted  by  the  Lidgerwood 
Mfg.  Co.,  the  Lambert  Hoisting  Engine  Co;,  and  the  Treiiton 
Iron  Co.,  respectively. 

In  the  arrangement-  adopted  by  the  Lidgerwood  Co,  the  load 
is  first  hoisted  to  the  desired  height.  During  conveying,  both 
hoisting  and  conveying  drums  must  be  in  operation,  and  of  the 
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saiile  diameter  so  that  the  load  may  remain  at  a  constajit  idis; 
tance  from  the  [cable.  ■    >■-.  .  ■'•- 

In  the  arrangement,  used  by  the  Lambert  Co.,  the  engine;  drums 
have  different  diameters,  the,  ilarger  bein^  the  conveying  drum. 


^Cofiveyiftg rope     ;  , ,  ^flqintf^bli 


/'ftoisr>nf 


Fig.  3^,    Arra,ngement ,  of,  Lidgerwood  Cablewayt 


This  permits   simultaneous  hoisting  and   conveying/  and  a  con- 
veying speed  greater  than  the  hoisting  speed. 

The  arrangement  used  by  the .Trentoji. Iron  Co.  was  devised 
to  obviate  the  necessity;  of  using  carriers  to  prevent  sagging  of 
the  ioisting  rope.     The-hQisting  rope  is  attached^  to  an  endless 


rCtfl^eyirfgrsPf 


/Iffincabki 


Tig.  4.    Arrangement  oi  Lambert' Cableway. 


rope  at  the  point  A  by  means  of  a  specially  constructed  swivel 
qonnection.  The  endless  rope  is  passed  a  number  of  times  aroimd 
an  elliptic-faced  dfum,  to  give.  suScieni;  friction ,  for  hoisting  the 
load.  In  operation  both  ,  hoisting  and  conveying  drums  are  in 
motion  during  conveying,  and  both  must  be  of  .the  same  diameter. 


,  Ijig.  5.    Art-ang^meBt  of  Trenton  Iron  Cp.'a  Cableway. 


FallrBope  Carriers. ,  '.  The  economical .  operation  of  a  cableway 
depends ,  in .  no  small  measure  "upon  the  carriers  employed.  Their 
function  is  to  preyent  excessive  tension  (due  to  sag);  in  the 
hoisting  rope,  so  that  when  the  load  is  detached  from  the  fall- 
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block,  the  latter,  while  free,  will  not  ascend  to  the  carriage. 
Even  with  the  use  of  carriers  4t  is  ^necessary  to  use  a  weighted 
fall-block,  so  that  it  may  be  raised  or  lowered  by  the  engineman 
when  no  load  is  attached. 

The  following  are  styles  of  carriers' in  use: 

(1)  Chain-Connected  Carriers.  These  consist  of  a  supporting 
sheave  which  travels  upon  the  main  cable,  below  whjch,  in  the 
same  frame,  are  sheaves  for  the  support  of  other  necessary  ropes. 
The  side  plates  which  form  the  frame  for  the  sheaves  must  pro- 
ject beyond  them,  so  that '  when  adjacent  carriers  strike  each 
other  the   sheaves  will  not  come   into   contact.     The   connected 


Fig.  6.    Lambert-Delaney  Carrier. 


carriers  are  attached  at  one  end  to  the  lower  ^nd  at  the  other 
to  the  carriage.  When  the  carriage  is  close  to  the  head  tower 
(engine  end ),  the  carriers  are  all  in  contact  with  the  chaius  hang- 
ing in  loops  belov.  As  the  carriage  moves  toward  the  tail  tower 
the  carriers  are  spaced. along  the  cable  with  the  , chains  hanging 
in  festoons  below. 

(2)  Button-Rope  Curriers.  With  this  carrier  an  additional 
rope  across  the  span  is  required.  It  is  fixed  at  one  end  and  kept 
at  a  constant  tension  by  a  weight  at  the  other.  At  intervals 
along  the  rope  are  affixed  "  buttons  ",  with  a,  gradation  of  diajpii- 
eters,  the  smallest  being  the  first  from  the;  head  tower.  The  car- 
riers are  provided  with  eyes  having  a  corresponding  gradation 
of  diameters,  slightly  smaller  than  the  buttons,  through  jvhich 
the  button  rope  is  threaded.  The  carriage  is  provided  with  a 
projecting  arm  or  "  horn,"  which  picks  up  the  carrier3  as  each  is 
met  during  the  travel  of  carriage  toward  the  head  tower.  All 
the  carriers  are  riding  upon  the  arm  when  the  head  tower  is 
reached..  On  moving  away  from  the  head  tower,  the  first  button 
passes  through  the  eyes  of  all  the  carriers  but  the  last.  This 
one  isf  snatched,  from  the  arm  and  deposited  upon  the  cable.  The 
second  button  selects  the  next  carrier,  and  so  on. 

(3)  The  LamiertrDelaney  Carrier.-  This  is  rather  an  ingeni- 
ous device,  depending  upon  the  fact,  that  points  along  the  vertical 
diameter  of  a  horizontally  rolling  wheel  travel  at  different  ve- 
locities.    The  rolling  wheel  in  the,  case  of  the  carrier  is- invented, 
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and"  rolls  Upon  the  under  side  of  the  main  cable.  The  conveying 
rope  is  the  roUing  force,  and  is  applied  at. different  distances  from 
lihe  center  of  the  rolling  sheave  to  obtain  the  required  variation 
in  velocity  of  travel.  Fig.  6  illustrates  the  construction.  It  will 
be  noticed  that,  in  the  quarter  speed  carrier,  a  yoke  with  set 
screw  is  used  to  increase  the  friction  between  the  rolling  sheaVe 
and  cable. 

The  advantages  and  disadvantages  of  the  above  types  of  car- 
riers are  as  follows : 

Chain-connected  Carriers.  Advantages:  (a)  Simplicity,  (b) 
Not     easily  ~  deranged,      (c)   Positive     spacing.     Disadvantages: 

(a)  Extremely  heavy,  (b)  Considerable  wear,  (c)  Power  re- 
quired to  stretch  chains  as  carriage  nears  tail  tower. 

Button-rope       Carriers.     Advantages:      (a)   Extremely      light. 

(b)  Minimsum  wear  to  both  carrier  and  cable,  (c)  Positive  spac- 
ing.    Disadvanta,ges :      (a)   Maintenance  of  button  rope. 

Lanibert-Delaney  Carriers.  Advantages:  (a)  Neither  rope 
nor  chains  required  for  spacing,  (b)  Weight  of  carriers  uni- 
'  formly  distributed  at  all  times  between  carriage  and  towers,  (c) 
Moderate  weight.  Disadvantages :  ( a )  Double  bending  of  con- 
veying' rope  while  passing  through  carriers,  causing  short  life  of 
rope,  (b)  Variable  spacing  due  to  slip  between  rolling  shelves 
and  cable,     (e)   Large  number  of  sheaves  to  maintain: 

The  arrangement  shown  in  Fig.  5  is '' the  Laurent-Cherry"  sys- 
tem, which, employs  no  carriers,  as  above  mentioned.  The  advan- 
tages are:  (a)  A  minimum  of  working  parts  not  easily  acces- 
sible, (b)  A  minimum  of  dead  weight  to  be  sustained  by  cable. 
The  disadvantages  are:  (a)  The  endless  hoisting  rope  is  sub- 
ject to  considerable  wear  owing  to  constant  slipping  on  elliptic- 
faced  drum,  (b)  When  hoisting  from  a  considerable  depth  below 
the  main  cable  and  conveying  toward  the  tail  tower,  there  is  a 
limit  to  the  distance  of  approath  to  the  tail  tower,  owing  to 
the  fact  that  connection  at  A,  Fig.  5,  cannot  pass  over  the  tail 
toWer  sheave.  ■  On  this  account  a  greater  span  is  necessary  under 
such  conditions  than   in  the  other  arrangements. 

The  Incline  Cablewdy.  It  is  obvious  that  when  the  inclination 
of  the  cable  is  such  that  greater  power  is  required  for  conveying 
than  for  hoisting,  the  carriage  will  remain  stationary  on  the 
cable  while  the  load  is  being  hoisted,  even  though  no  conveying 
or  endless  rope  is  used.  Should  the  load  be  hoisted  until  the  fall- 
block  comes  into  contact  with  the  carriage,  the  further  pull  on 
the  hoisting  rope  will  cause  the  carriage  with  the  load  to  move 
along  the  cable.  A  single  drum  engine  is,  therefore,  all  that  is 
necessary. 

The  simplest  forih  of  incline  cableway  is  used  where  the  load- 


COST  WITH  CABLEWAYS  AND  CONVEYORS         581 

ing  is  always  done' at  the  same  point,  also  the  unloading.  .In 
this  case  a  stopping  block  is  clamped  to  the  main  cable  to  prevent 
the  carriage  running  below  the  point  of  loading,  and  a  self- 
engaging  latch  is  clamped  to  the  cable  at  the  unloading  point 
to  hold  the  carriage  in  position  while  the  load  is  being  lowered 
for  unloading. 

Where  it  is  necessary  to :  provide  means  for  loading  and  un- 
loading at  any  point,  an  endless  rope  is  used  as  in  the  horizontal 
eableway,  but  no  power  is  necessary  for  its  operation,  its  function 
being  merely  to  hold  the  carriage  at  any  desired  point.  This  is 
accomplished  by  passing  the  endless  rope  a  number  of  times 
around  an  elliptic-faced  drum  provided  with  brake  only..         , 

The  Aerial  Dump.  The  range  of  the  eableway  is  largely  ,  in- 
creased by  the  possibility  of  diunping  the  contents  of  the  skip 
at  any  point  in  its  travel  by  the  manipulation  of  a  lever  at  the 
.engine.  The  skip  employed  has  an  open  end,  so  that  tilting  is  all 
that  is  necessary  for  dumping.  The  skip  is  suspended  from  the 
hook  of  the  fall-block  by  chains  with  hook  ends  attached  to  the 
sides  and  ends  of  the  skip.  The  end  of  the  skip  is  also  attached 
to  another  fall-block  reeved  with  the  dump  line.  The  latter  neces- 
sitates two  additional  sheaves  below  the  cable  in  the  carriage, 
and  is  reeved  in  a  manner  similai-  to  the  hoisting  rope.  In  the 
Lidgerwood  self-dumping  device  the  dump  line  is  wound  on  the 
hoisting  drum,  and  when  it  is  desired  to  dump  the  skip,  the  line 
is  shifted  by  a  suitable  mechanism  upon  an  increased  diameter  of 
drum.  This  causes  the  dump  line  to  be  drawn  in  at  a  higher 
rate  of  speed  than  the  hoisting  rope,  and  results  in  the  tilting  of 
the  skip  for  discharging  the  contents. 

In  the  Lambert  system  the  dump  line  is  attached  to  its  own 
driim  mounted  on  a  shaft  with  the  hoisting  drum,  in  close  con- 
tact with  the  latter  and  so  arranged  that  the  hoisting  drum, 
when  released  with  a  load,  can  make  only  a  half  revolution  while 
the  dump  line  drum  is  stationary.  During  hoisting,  the  hoisting 
drum  drives  the  dump  line  drum  and,  both  being  of  the  same 
diameter,  the  skip  remains  horizontal.  When  it  is  desired  to 
dump  the  skip,  the  brake  is  applied  to  the  dump  line  drum  and 
released  on  the  hoisting  drum.  "      ., 

Lubrication.  ThQ  fact  that  the  sheaves  in  the  carriers,  car- 
riage, and  tops  of  towers  are  not  easily  accessible  renders  self- 
lubricating  bushings  desirable,  and  they  are  generally  used.  Their 
use,  however,  does  not  mean  that  little  attention  is  required-,  The 
carriage  and  hoisting  rope  especially  should  be  carefully  examined 
daily,  for,  while  the  apparatus  is  seldom  used  to  transport  men, 
,  the  load  is  generally  conveyed  above  them. 

Towers.     Either  tower  may  be  fixed  or  movable.     When  both 
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are  movable  the  tracks  muat  be  parallel.  The  parallel  track  ar- 
rarigement  was  used  extensively  in  the  excavating  of  the  Chicago 
drainage  canal.  A  commoii  arrangement  is  the  radial  cableway, 
where  one  tower  is  fixed  and  the  other  movable. 

Movkble  towers  are  usually  mounted  on  standard'  railroad 
wheels.  The  track  consists  of  six  or  seven  lines  of  rails',  and  rail 
braces  should  be  used  plentifully.  Power  for  moving  the  tower 
may  be  obtained  from  the  winch-head  on  the  cableway  engine,  or, 
if  the  tower  must  be  moved  often,  a  special  engiue  is  provided. 
Movement  is  accomplished  by  block  and  tackle  between  the  engine 
and  anchorage  at  either  end  of  the  track.  Considerable- power  is 
necessary  on  account  of  the  large  amount  of  friction-  between 
flanges  of  wheels  land  rails.  ' 

For  low  towers  in  fixed  positions  the  "A "  frame  is  commbnly 
used,  but  the  head  tower  should  not  be  so  low,  or  the  engiii'e 
so  close  to  it,  that  the  fleet  angle  of  the  ropes  beconies  excessive. 
In  some  eases,  especially  in  incline  cableways,  the  tail  tower 
may  be  dispensed  with  and  a  rock  anchorage  substituted.  High 
towers  are  common  where  height  is  desired  for  disposal  of  ma- 
terial beneath  the  cable,  and  in  very  low  spans  where  the  deflec- 
tion of  the  cable  is' necessarily  large.  They  are  usually  con- 
structed of  wood,  for  the  reason  that  the  cost  is  less  and  in  most 
cases  they  will  last  as  long  as  the  cableway  is  required.  The 
base  of  the  tower  is  usually  from  one-third  to  one-half  the  height. 
Steel  masts  are  sometimes  used  for  tail  towers.  They  require  at 
least  three  strong  and  well  anchored  guy  lines.  The  base  has  a 
ball  and  socket  joint  of  steel  castings,  and  the  customary  wood 
saddle  is  bolted  to  the  top  for  the  main  cable. 


Fig.  7.     Step  Socket  for  Main  Cable. 


Oalle.  The  essential  features  of  the  main  cable  are 
strength,  lightness,  flexibility,  and  a  surface  which  will  not  only 
receive  the  least  wear  but  impart  the  least  wear  to  the  sheaves 
rolling  upon  it.  The  standard  hoisting  rope  is  objectionable  from 
the  standpoint  last  mentioned.  Though  Jess'  flexible  than  the 
hoisting  rope,  the  locked-wire  rope  is  generally  used  for  the  reason 
that  the  other  qualities  are  possessed  to  a  much  greater  degree. 
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Fig.  7  shows  the  socket  used  on  the  looked- wire  rope.  There  are 
six  wedge  segments  in  each  cofte,  with  the  exception  of  the 
smallest,  which  contains  four.  .'       , 

Means  are  provided  for  taking. up  the  main  cable,  when  the 
deflection  has  become  excessive,  due  to  stretching,;  In  short  spans 
a  turnbuckle  is  inse;rted  in  the  sling  which  passes  around  the  an- 
chorage and  thence ,  through  a  sheave  attached  to .  the  end  pf 
the  cable.  For  long  spans,  special  double  or  triple  sheave  blocks 
are  used,  reeved  with  wire  rope.    The  take-up  is  usually  located 
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Fig.  8.     Concrete  Anchorage  for  Main  Cable. 


at  the  head  tower  end  so  that  the  engine  may  be  utilized  when 
taking  up  is  necessary.  •.    !,  -      ,,,      '  i 

Anchorages.  The  tension  of  the  main  cable, is  usually  from  five 
to  six  times  the  load,  depending  upon  the  deflection.  Anchorages 
secure  beyond  all  possible  doubt,  are  essential,  as  "their  failure; 
would  prove  disastrous  to  the  cableway  and  imperil  the  lives  pf 
men.  Since  it  is  impossible  to  calculate. -the  resistance  oft'ered 
by  the  earth  to  a  buried  anchorage,  it  is  usual  tp  find  a  much 
strpnger  anchorage  than  is  necessary.  The  usual  fprm  for  modi 
erate  tensions: — ^say  up  to  30  tonsils  a.  well  tarred  pak- Ipg 
abput.lS  in.  in  diameter  and  16  ft.'  Ipng,  buried  tp  a  depth, of  8, or 
10  fti  If:  loriger  life  is  desired,  or,  if  the  tension  is^greater,  a  cenr 
Crete  anchorage  may  be  substituted.  A  form  which  has  beeij.i^uci 
eeesfuUy  used  is  shown  in  Fig  8.  i  .,     , 

I  A  Coasting  Cableway.  ,  This  is  a ;  simple  device  of  the ,  nature 
of  a  cableway  in  which  a  ]!ine,i.starting  at  a  point  about  on  a 
level  .with  the  base  of  a  pile  idriver  or  derrick,  is  run  qver.a 
sheave  atjthe  top  of  the  llea,ds  or  magt'and  down  to  the  engine 
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drum.  A  snatch  block  travels  on  this  cable.  A  tag  rope  is 
fastened  to  this  blot-k  and  may  be  controlled  by  snubbing!  around 
a  post  or  a  winch  or  drum  on  the  engine.  Heavy  loads  can  be 
moved  easily  by  raising  or  lovi'ering  one  or  both  of  the  lineSj  as 
illustraited  in  Fig.  9. 

The  author  has  used  this  device  on  a  sma:ll  job  for  handling 
heavy  timbers  and  pile  caps.  '  A  floating  derrick  vpas  utilized  for 
the  same  purpose  in  the  construction  of  the  pile'  foundation  for  a 
large  sewer  in  New  York '(see  Trans.  Am.  800.  C.  E.,  Vol.  31,  p. 
073) .     It  may  be  adapted  for  moving  earth. 


Fig.  9.     Coasting  Conveyor. 


Parker  and  Flynn  used  an  inexpensive  eableway  for  construct- 
ing concrete  piers  at  Northumberland,  New  York.  This  device 
was  illustrated  by  them  in  Engineering  News,  June  26,  1902.  It 
consisted  of  'a  55-ft.  guy  derrick,  without  boom,  placed  near  the 
edge'  of  the  bank  at  the  side  of  the  river,  and  a  two-legged  bent 
placed  in  the  middle  of  the  river.  The  caljle  was  of  %-in.  steel 
and  was  stretched  from  a  dead  man  on  the  shore  about  150. ft. 
back  of  the  derrick,  past  and  just  crossing  the  derrick  to  the 
bent.  Under  the  top  of  the-bent  at  the  end  of  this  cable  himg 
two  weights  which  consisted  of  scale  pans  loaded  with  concrete. 
In  passing  over  the  bent  the  cablfeway  was  carried  on  a  16-in. 
blbck.  The  boom  fall  of  the  derrick  was  then  hooked  onto  the 
cable  at  the  foot  of  the  mast.  The  carriage  on  the  cable  con- 
sisted of  two  16-in.  cable-sheaves  with  iron  straps,  forming  a 
triangle,  and  carrying  a  chain  on  which  the  bucket  was  hooked. 
In  operation  the  bucket  was  hooked  to  the  carrier  on  shore,  a 
single  dtum  hoisting  engine  wound  up  the  boom  fall  and  the  cable 
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was  hoisted  until  it  had  a  pitch  down  toward  the  river  of  18  or 
20  ft.  in  the  span  of  450  ft.  The  loaded  bucket  travelled  under 
gravity  away  from  the  shore.  After  the  bucket  had  been  dumped 
the  boom  fall  was  lowered  until  the  cableway  had  a  reversed 
pitch  of  18  or  20  ft.,  when  the  empty  bucket  returned  to  the  shore. 
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Fig.  10.     A  Cableway  for  Conveying  Materials  in  Building  Con- 
crete Piers,  at  Northumberland,  N.  Y. 


The  speed  of  the  bucket  was  governed  by  the  slope  of  the  cable. 
When  the  cable  was  at  its  extreme  grade  the  bucket  would  run 
from  the  platform  to  the  bent  a  distance  of  450  ft.  in*  35  seconds 
and  return  in  about  the  same  time.  This  device  might  be  em- 
ployed for  earth  excavation. 

A  Balanced  Cable  Crane.  Engvneervng  and,  Contracting,  Nov. 
13,  1907,  gives  the  following:  This  cableway  was  installed  at  a 
coal   storage  plant  at  Watertown,   N.   Y.     It   is  equipped   with 
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Cableway  in  Which  Sag,  in  Cable  is  Practically  Done 
Away  with  by  Oscillating  Towers. 


:  electric  motors  not  only  on  the  trolley  or  carriage,  but  also  on 
'each  of  the  oscillating  towers.  In  this  manner  each  tower  can 
be  propelled  along  the  single  rail  track.  It  is  not  necessary  that 
the'  two  towers  move  simultaneously.  Indeed,  one  tower  can 
travel  25  ft.  without  moving  the  other  tower.  The  towers  have  a 
traveling  speed  of  43  ft.  per  min.,  when  it  is  desired  to  shift  them. 
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The  electric  load  carriage,  or  trolley,  handles  a  S-cu.  yd.  clam- 
shell bucket,  and  has  a  traveling  speed  of  1,500  ft.  per  min.  and  a 
hoisting  speed  of  80  ft.  per  min.,  with  a  60*p.  motor. 

It  is  interesting  to  note  that  this  cableway-as  built  commands 
about  9,000  cu.  yd.  of  material  per  ft.  of  depth.  It  might  easily 
be  economical  equipment  to  use  on  an  excavating  job. 

A  Combination  Cableway  and  Derrick.  Engineering  and  Con- 
tracting, Feb.  24,  1909,  gives  the  following^ 

Today  the  use  of  cableways  for  building  sewers  is  rapidly  in- 
creasing, as  is  also  the  Use  of  "portaljle  derricks.  With  both  ma- 
chines good  work  can  be  done  both  in  excavating  the  trench  and 
111  placing  materials  in  the  construction  of  the  sewers.  On  this 
page  we  illustrate  a  combination  cablewa;y  and  derrick  designed 
for  spans  up  to  500  ft.,  that  promises  to  find  a  great  field  of 


Fig.  12.    .Combination  Cableway  and  Derrick. 


usefulness  in  not  only  building  sewers  but  in  many  other  classes 
of  construction. 

The  general  plan  is  extremely  simple.  The  derrick  is  built  on 
a  car  with;  a  hoisting  engine  and  boiler.^  Over  the  A-frame 
for  the  derrick  is  erected  a  head  tower  for  the  caljleway.  A  tail 
tower  is  erected  at  the  other  end  of  the  work  and  the  cableway 
strung,  and  anchored  to  dead  men  as  shown.  In  moving  the  ^able- 
way,  only  the  tail  tower  need  be  taken  down. 

It  is  possible  to  use  both  the  derrick  and  cableway  at  the  same 
time,  or  work  can  be  carried  on  with  either.  This  arrangement 
means  a  saving  in  time  in  carrying  on  work.  This  design  was 
gotten  up  by  the  New  York  Cableway  &  Engineering  Co.,  2  Rector 
St.,  New  York. 

life  of  Hain  Cable.  A  %-in.  wire  cable  used  on  an  incline  on 
the  Chicago  Main  Drainage  Canal  lasted  from  100  to  160  days, 
during  which  time  it  made  from  30,000  to  50,000  trips,  carrying 
from '  50,000  to  80,000  cu.  yd.  of  solid  rock.  Assuming  the  rook 
to  weigh  4,300  lb.  per  cu.  yd.  the  life  of  the  cable,  was  from  108,000 
to  172,000  tons. 

A  Telpher  System.  Engineering  and  Contracting,  Oct.  18,  1916, 
describes  a  method  of  disposing  of  subway  excavation  in  New 
York  City,  by  telpherage.       ' 
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The  power  for  hoisting  and  trpUeying  was  furnished  by  a 
60-hp.  250-volt  direct  current  motor.  A  Lidgerwood  2-drum 
hoist  was  used  for  hoisting  and  trolleying.  The  car  was  a  home- 
made; affair,  composed  of  four  standard  cast  iron  wheels  8-in.  in 
diameter,  which  run  on  two  18-in.  I-,beams;  These  wheals  sup- 
ported two  standard  cast  iron  sheaves,  16-ip.  in  diameter,,  through 
which  the  hoisting  cable  ran.  The  cables  were  arranged  as  shown 
in  Fig.  .13.  <  (Steel  buckets  and  skips  were  used,  for  handling  ma- 
terial, the  former  holding  about  1  yd.,  the  latter  2  yd.  of  ma- 
terial. 


g'CableTrollei 

y'y/C..-^' Cable  Hoist 

''^'Hoisf-  Drums 


^3r^ 


Car 


E.&C. 


Fig.  13.     Arrangement  of  Cables  for  Telpher  System. 

A  Skip  Dumping  Device.  This  was  developed  in  connection 
with  the  Ashokan  Reservoir  work  of  the  Catskill  Aqueduct  and 
is  described  in  Engmeering  and  Contracting,  Kov.  9,  1910.  The 
cableway  used  was  of  the  Lidgerwood  type  and  was  equipped  with 
Locher  skip  dumping  mechanism. 

As  shown  in  Fig.  14  the  dump  line  and  the  hoisting  rope  are 
wound  on  the  same  drum  C  in  the  cableway  tower  and  all  their 
motions  coincide.  The  dump  rope,  at  the  tower,  runs  down 
through  a  fall  block  A,  then  up  over  the  sheave  B,  and  thence  to 
the  main  drum  O.  By  pulling  down  the  fall  block  A,  which  is 
suspended  in  the  loop  of  the;  dump  line,  this,  line  is  shortened, 
lifts  the  rear  of  the  skip  and  thus  dumps  it.  It  is  the  method 
of  .pulling  down,  this  fa,ll  block  with  wlfich  is  noyel.  The  .old 
method  was  by  a  cable  which  wound  upon  a  small  drum.;.  This 
method  worked  well,  but  was  slow.  The  new  method  consists 
im.pHlling  down  the  fall  block  by  means  of.  a  cable  which  is  fas- 
tened, to  the  block  and  passes  from  there  through  a  stationary 
sheave  D  directly  below,  thence  through  a  sheave  JE  fastened  to  the 
end  of  a  piston  rod,  operated  by  a  compressed  air  cylinder  about 
12x72  in.  in  size  and  thence  back  to  a  stationary  anchorage 
F  on  one  of  the  heavy  timbers  of  the  tower.  By  .passing  the  cable 
through  the  sheave  E  on  the  end  of,  the  piston  the  .ijlistance  through 
which  the  piston  acts. is  only  one-half  the  distance  through  virhjich 
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the  fall  block  is  moved.     The  piston  is  operated  by  compressed, 
air  which  is  used  for  operating  all  the  machines  in  the  work. 

Drag  line  Cableway  Excavators.  These  machines  consist  of  a 
bucket  carried  on  an  over-head  or  track  cable  and  a  drag  or  load 
line.  The  machine  ip  operated  and  controlled,  as  a  rule,  by  a 
double-drum  hoisting  engine.  One  end  Of  the  track  cable  is  se- 
curely fastened  to  a  suitable  anchorage,  and  the  other  end  is 
supported  by  a  tower,  in  the  case  of  a  slack  or  gravity  cablewayi 


Fig.  14.     Skip  Dumping  Device  for  Cableways. 

The  track  cable  can  be  pulled  taut  or  slackened  by  means  of  a 
set  of  buck  lines,  leading  to  a  drum  on  the  engine.  The  drag 
line  leads  from  the  bucket  over  a  sheave  on  the  tower  to  the 
buck  drum  on  the  engine. 

In  operation,  the  bucket  is  lowered  into  the  excavation  by 
slacking  the  cables,  and  is  then  drkwn  forward  until  tilled.  While 
the  bucket  is  loading,  the  track  cable  remains  flat.  As  soon  as 
the  bucket  is  loaded,  the  operator  gradually  tightens  the  cable 
and  at  the  same  time  hauls  in  the  load  by  the  drag  line,  so  that 
the  bucket  is  lifted  and  pulled  to  tlie  dumping  point  simultan- 
eously. The  empty  bucket  returns  to  the  loading  point  by  gravity, 
the  operators  simply  release  the  friction  of  the  load-line  drum; 

The  iforegoing  explanation  applies  to  a  flat  cableway,  in  which 
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the  empty  bucket  is  lowered  b);  gravity.  In  some  installations  it 
is  desirable  to  iave  the  loaded  buckets  operated  by  gravity. 

The  capacity  pf  a  cableway  excavator,  depends  on  many  factors, 
among  whic^  niay  be  included  the  working  span  and  depth,  the 
available  power,  the  nature  of  the  material,-  and  whether  it  is 
dry  or  wet,  as^well  as  the  efficiency'  of  the  labor.  Mr.  W.  H. 
Wihnn,  in  Engineering  Record,  June  5,  1915,  states  that  a  1-yd. 
machine,  working  either  wet  or  dry  gravel,  on  an  average  span 
of  500  ft.,  and  to  a  depth  of  about  35  ft.,  has  easily  averaged  35 
cu.  yd.  of  material  per  hour  excavated,  and  carried  to  the  top  of 
a  plant  60  ft.  jiigH.  A  1^-yd.  machine,  operated  by  a  10  x  12-in. 
engine,  under  similar  conditions,  has  averaged  50  cu.  yd.  per  hr. 
Under  ordinary  working  conditions,  taking  into  consideration  all 
the  delays,  a  1-yd.  ma.chine  should  average  from  200  to  250  cu. 
yd.,  and  a  1%-yd.  machine  350  to  400  cu.  yd;  per  day. 

Under  favprahle  conditions,  and  on  usual  spans  of  400  and  500 
ft.,  a  load  line  should  have  a  life  of  about  20,000  cu.  yd.,  and  a 
tension  line  should  give  greater  service,  averaging  about  25,000 
cu.  yd.     The  track  cable  Should  average  about  50,000  cu.  yd. 

rigs.  15  and  16  shows  various  arrangements  of  cableway  ex- 
cavators made  by  J.  C.  Buckbee  and  Co.,  Chicago,  111.  / 

A  Cableway  Sicraper  Excavator.  Engineering  and  Contracting 
gives  the  following  in  the  issue  of  Apr.  23,  1913. 

A  new  modification  in  cableway  scraper  excavators  is  illustrated 
by  the  accompanying  sketches.  This  excavator  will  work  under 
water  as  wejl  as  in  dry  pits  and  has  been  qtiite  widely  employed 
in  stripping,  in  j  gravel  pits  and  in « other  loose  soil  excavation. 
The  records  given  later  indicate  its  economy  of  operation. 

In  general  the  plant  consists  of  a  track-cable  on  which  runs 
a  carriage  operated  by  a  hauling  rope  and  carrying  suspended 
a  scraper  bucket.  The  fack  cable  has  an  adjustable  attachment 
at  one  end  to  a  mast  and  is  at  the  other  end  fastened  by  a  bridle 
hitch  to  two  anchors.  By  means  of  this  adjustable  mast  con- 
nection, the  track  cable  can  be  slacked  to  lower  the  bucket  into 
the  pit  to  dig,  and  then- made  taut  to  raise  the  loaded  bucket 
out  of  the  pit  and  provide  a  track  cableway  for  hauling  the  load 
fo  the  pit  bank  to  be  dischai;ged.  The  line  of  the  track  cable, 
being  from  the  mast  top  on  one  side  to  the  bridle  hitch  at  ground 
level  on  the  other  side  of  the  pit,  is  inclined,  so  that  the  bucket 
returns  by  gravity  when  the  hauling  rope  is  slacked.  In  brief, 
then,  the  operation  is  as  follows ;  The ,  bucket  being  at  the  pit 
side  farthest  from  the  mast,  the  track  cable  is  slacked  to  low^r  the 
bucket  to  the  pit  bottom.  A  pull  on  the  hauling  rope  draws  the 
bucket  ahead  and  it  scrapes  up  a  load.  The  track  cable  is  then 
hoisted  taut  and  raises  the  bucket  out  of  the  pit.     The  loaded 
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bucket  is  then  hauled  up  the  track  cable  to  the  (lumping  point 

where"  it  is  dumped  automatically.     The  bucket  then  returns  by 

gravity  to  its  first  position  of  readiness  to  excavate  another  load. 

From  this  general  statement  it  will  be  seen  that  the  essential 
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Fig.  17. 


Bridle  Frame 


Bridle  Hitch  for  Tail  of  Track  Cable. 
Scraper  Excavator. 


Cableway 


Jensibn  Block 

■  Tension  Cobk 


Tension  8/ock 


.'Track 
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Fig.  ,18.     Mast  Top  and  Sheave  Assembly  Cableway  Scraper 
Excavator. 

structural  and  operating  parts  of  the  excavator  are  the  adjustable 
attachments  at  the  mast  head,  the  bradle  hitch  at  the  opposite 
end  of  the  track  cable  and  the  bucket  and  carriage  and  th^r  op- 
erating lines.  The  bridle  hitch  is  simple  and  is  completely  ex- 
plained  by   Fig.   17.     Fig.    IS   shows  the  mast  head  attachment 
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which  is  explained  as  follows:  From  the  rear  drum  of  a  double 
drum  hoist  at  the  mast  bottom  a  tension  line  runs  to  the  mast  top 
and  is  fastened  to  the  track  cable  block  A,  Fig.  18,  after  being 
rove  as  shown  through  blocks  B  and  G.  Block  C  is  fastened  in  a 
fixed  vertical  position  to  a  collar  ring  which  is  free  to  revolve 
around  the  mast,  but  the  other  blocks  have  ordinary  swivel 
connections.  The  tension  line,  as  its  name  indicates,  is  employed 
to  make  the  track  cable  alternately  slack  and  taut. 

Ti  rning  now  to  the  bucket  hauling  and  dumping  operations,  it 
is  noted,  first,  that  from  the  front  drum  of  the  engine  a  line  runs 


Carriage  and  Bucket  and  Operating  Attachments 
Cableway  Scraper  Excavator. 


to  block  D  on  the  mast.  Fig.  18,  and  thence  to  the  dump  block 
to  which  the  bucket  pull  chain  is  attached  as  shown  by  Fig.  19. 
This  line,  called  the  load  cable,  hauls  the  bucket  on  its  carriage 
along  the  track  cable.  .Fig.  19  shows  the  bucket  and  carriage  and 
their  various  cable  and  chain  attachments.  The  purpose  of  all 
these  parts  is  clear  from  the  drawing  except  possibly  that  of  the 
dump  Chain.  In  traveling  along  the  track  cable  the  carriage 
and  the  traveler  block  keep  in  the  relative' positions  shown  until 
the  dumping  point  is  approached.  Then  the  traveler  block  is  ar- 
rested by  a  stop  on  the  track  cable,  but  the  carria:ge  and  bucket 
continue  on  until  a  loop  is  taken  up  in  the  dump  chain  sufficient 
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to  elevate  the  rear  end  of  the  bucket  and  d,ump  the  load.  The 
relative  adjustment  of  the  bridle  and  push  chains  determines 
the  digging,  angle  of-  the  bucket. 

A  number  of  this  type  of  cableway  scraper  excavators  are  in 
use.  The  following  figures  are  furnished, of  the  cost  of  operation 
of  one  plant  which  is  installed  at  a  gravel  pit :  , 

Engineman ; $3.00 

Fireman     .'.'■ '■ 2.00 

;1%  tons  coal 3.50 

Oil,   waste,  etcv 0.50 

Total *9.00 

This  cost  is  for  a  10-hr.  day.  A  l-cu.  yd.  bucket  is  used  and 
about  300  eu.  yd.  per  day  are  handled.  On  this  basis  the  cost 
is  3  et.  per  cu.  yd.,  not  including  overhead  expenses,  shifting, 
etc.  The  machine  is  known  as  the  Shearer  &  Mayer  Patented 
Dragline  Cableway  Excavator.  It  is  sold  by  Sauerman  Bros., 
Chicago,  111. 

The  Cost  of  a  Tower  Scraper  Excavator.  Engineering  and 
Contracting,  Oct.  26,  1910,  gives  the  following:  This  cableway 
rig  was  used  to  operate  a  48-cu.  ft.  bucket  on  the  New  York 
State  Barge  Canal  construction.  The  greater  part  of  the  cost  of 
this  plant  is  in  the  hoisting  engine  and  scraper  bucket,  both  of 
which  would  have  considerable  salvage  value. 

The  total  cqst  of  the  plant  was: 

6,080  ft.  B.  M.  lumber  at  $38  per  M $   193.04 

360  ft.  B.  M.  white  oak  at  $45  per  M 16.20 

540  lb.  iron  bolts  and  nuts  at  6  ct 32.40 

120  ft.  %-in..  wire  rope  backstays   13.20 

2  %.in.  turnbuckles    ^   .80 

1  headblack  sheave  and  bearing 10.00 

1  hauling  sheave  and  bearing  4.00 

l,8^,x,10^Lidgi?rwood  double  drum  hoisting  engine   (.■ ;  1,089.00 

1  scraper  bucket,  complete  with  cutting  edge,  sheaves,  etc......  300.00 

Labor  erecting  based  on  condition  in  Northern  New  York,  carpen- 
ters at  $2.60  per  8-hr.  day  200.00 

Tptal      .' $1,858.64 

The  following  is  an  estimate  of  the  operating  cost  of  the  plant, 
also  furnished  by  the  Atlantic,  Gulf  &  Pacific  Co.. 

Wire   rope $16b!d0 

20  tons  coal  at  $4  80:00,  ' 

Oil,  waste  and  repairs  '.       JjS.OQ    ,  ,,,  . 

Total  per  month    $255.00 

To  this  is  to  be  added  the  labor  cost.  Each  shift  requires 
the  following  force: 
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1  foreman  at;37%  ct,' per  hr. $  S.OOt 

l.engineman  at  ST^  ct.  per  hr 3.00 

1  'fireman  at  22  ct.  per  hr, 1.76 

1  signal  man  at  25  ct.  per  hr 2.00 

5  lahorers  at  20  ct.  per  hr.  ■> 8.00 

And  an  additional    : 

4  laborers  at  20  ct.  per  hr 6.40 

Total  labor  per  day  ?24.16 


V/7/  fa/pff 


Fig.  20.     Operation  of  Field  Tower  Excavator. 


Assuming  26  working  days  and  two  shifts  per  day,  the  labor 
cost  foil  one  month  is  $1,256.32  which,  added  io  $255  given  above, 
makes  a  total  cost  for  operation  of  $1,511.32.  Assuming  interest 
on  plant  at  %%  per  month  we  have  an  additional  $9.30,  making 
the  grand  total  $1,520.62. 

Costs  with  a  Scraper  Bucket  Cableway.  Detailed  description 
and  illustrations  are'  given  in  Engineering  Record,  Deer  22,  1894, 
of  a  cableway  handling  a  scraper-bucket  at  Niagara  Falls,  Ontario. 
The  plant  consisted  of  an  overhead  Lidgerwood  cableway  sys- 
tem carried  on  towers  operated  by  a  simple  da.ble-drum  8  x  10-in. 
engine  and  a  boiler,  and  carrying  a  scraper-bucket  for  digging, 
lifting,  carrying,  and  loading  sand. 

The  operating  expense  per  day,  with  an  output  of  400  cu.  yd., 
was  as  follows: 

Per  day 

1  engineman    $2.50j 

"    1  fireman '..      l.BO 

1  bucket-man     1.75 

1  breaking  down  man   1.50 

1  foreman    2.S0 

i  %  ton  of  coal  (swept  from  cars)  .' OM 

Total  operating  expense    ..^.    $9.73 
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Cableway  Operation  in  Cecila  Slough.     Through  the  courtesy 
of  Lt.  W.  H.  Bixby  Corps  of  Engineers  U.  S.  Army,  1  am  en- 


Fig.  21.    Details  of  Tower  for  Field  Tower  Excavator. 

abled  to  publish  the  following  report,  submitted  to  him  by  Joseph 
Wright,  on  the  operation  of  a  cableway  in  Cecila  Slough,  lU.^, 
from  Oct.  10  to  Dec.  20,  1904. 
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This  period  was  chosen  because  it  is  thought  to  be  more 
nearly  representative  of  what  might  be  expected  of  such  a  plant 
working  in  soft  material  under  normal  conditions,  provided  that 
allowance  be  made  for  extraordinary  breakages  and  renewals  men- 
tioned below: 

Span  of  cableway 625  ft. 

Average  length  of  haul .200  ft. 

Distance  advanced  each  day  by  cableway  about  70  ft. 

Material  excavated  Peat 

Capacity  of  dippers  used,  1%  cu.  yd N'ominal 

Actual  average  dipper  load,  1-77/100  cu.  yd.  place  measure. 

Total  operating  cost,  Oct.  10  to  Dec.  20  $11,646 

Total  yardage 131,414  ou.  yd. 

Operating  cost  per  yd 8.78  ct. 

The  operating  cost  consists   of 

Total  cost  of  labor $7,261 

Bepairs,  renewals,   lubricating  oil,  kerosene  oil  for  Wells 

lights,   ^aste,   etc $3,628 

Coal   ...;.. $757 

The  above  figures  were  taken  from  my  books.  It  will  be  noticed 
•  that  the  item  for  repairs,  oil,  etc.,  is  quite  large.  The  item  in- 
cludes $1,350  worth  of  new  cables,  whereas  only  about  one-third 
of  it  should  be  properly  charged  to  the  operating  cost  for  this 
period.  The  kerosene  oil  bill  for  lights  was  about  $293,  or  about 
$126  per  month.  This^  of  course,  is  a  proper  aharge  if  operated 
24  hr.  per  day  as  was  the  case. 

Running  over  the  journals  and  cutting  out  such  items  as  should 
not  have  been  charged  to  operating  cost  during  this  period,  but 
which  should  have  been  carried  as  unexpended  to  a  later  period, 
I  find  an  aggregate  of  $1,793,  which  should  be  properly  deducted 
from  the  "  repair  "  item  above.  Making  this  deduction  reduced 
the  "  total  operating  cost "  to  $9,753,  and  the  "  operating  cost 
per  yard  "  to  7.42  ct. 

It  is  only  fair  to  state  in  this  connection  that  during  the 
period  of  operating  for  vlrhich  cost  data  are  submitted,  the  towers 
were  moving  over  very  soft  ground.  This  made  the  track  work 
expensive,  and  was  the  cause  of  a  number  of  extraordinary  break- 
ages. Then,  too,  3  crank  shafts  of  the  cableway  engines  were 
broken  and  renewed  during  this  period,  due  to  the  engines  having 
been  provided  with  unsuitable  fouedations  when  installed.  The 
cost  of  the  new  shafts  has  been  included  in  the  deduction  made 
above,  but  the  cost  of  the  delay  occasioned  has  not.  The  engines 
were  taken  up  and  re-bedded  during  the  winter*  of  1904  and  1905, 
and  since  have  given  no  trouble  by  breaking  shafts  or  heating  of 
journals. 

Numerous  other  improvements,  renewals,  etc.,,  were  made  at 
the  same  time,  among  which  was  the  substitution  of  2-inj  patent 
locked  main  cables  for  the  old  214-in.  cables.     This  change, alone 
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resulted  in  thesaving  of  $180  per  month  on  carriage  sheavea^dur- 
ing  the  season  of.  1905  as  compared  with,  the  period  chosen^. 

The  number  of  buckets  -  handled  each;  day  was  registered  by 
the   bell  boys,  ^m!    •'..,•:>;.  .  i!i       .    ■.,ii,,     .  ,.[.■;.,.,     i,, 

The  cost  given  includes  the  cost  of  a  large  force., qf  ditchers 
employed  during  the  entire  year,  and  the  extra  expense  entailed  by 
the  necessity  of  having  to  move  across  thci  slough  four  times 
instead  of  once.  The  material  was  so  unstable  it  was  necessary 
partially  to  ■  excavate  the  cut  in  passing  over  it  the  first  time, 
ditch  it,  let  it  dry,  and  then  pass  over  it  again,  repeating  the 
processi  until  the  cut  was  excavated  to  grade.  Thtin  there  was 
the  costbf  lengthening  the  span  from  525  ft.  to  625  ft.  and  many 
other  things,  which,  while  properly  charged  in  our  records,  it  is 
unfair,  to  charge  to  the  cableway  when  compared  with  other  ex- 
cavating machines.  ... 

During  the  period  for  which  data  are  submitted  in  this  re- 
port, the  cablevifay  was  passing  through  the  slough  the  .first  time 
and  the  cut  was  being  excavated  from  8  to  10  ft. 'deepj:  The  rate 
of  track  laying' was  about  70  ft.  per  day.  Had  thecutcbeen 
deeper  the  output  would,  of  course,  have  been  somewhat  larger, 
and  the  labor  account  on  track  work  materially  smaller. 

The  operating '  force  required,  and  the  wages  paid  were  as 
follows : 

1  engineman     ...^ ,.^,. ..    $125.  per  zap.  . 

who  had  charge  of  the  machinery,   and  who 

'    slept    on    the    grouiid,    took   his   turn    at' '  the 
■operating   levers    for  ,  eight   hours    each    day, 
■*     and  who  was  subject  tjo  call  at  any  time  in, 
case  of  a  breakdown.  '' 

5  enginemen   (8-hr.  day)   i. ..■: $  4.00  per  day 

6  firemen   (2  for  each  shift)    2,50    "      " 

3  riggers  (1  for  each  shift)   ..,. '■'■        2.00    "      " 

3  pumpmen    (r  for  each  shift) .-.■.■ 1.60   ,"      " 

2  light  tenders  (1  for  each,  mght  shift)   160    "      " 

6  signal  men  (S  for  each  shift)  ....';.'!...'......  45.00  '*  mo. 

1  foreman    (day  shift 'only)    ....... .' 75.00  *'  " 

12    to  16  laborers  (day  shift  only)    ., '  1.60  "  day 

2  and  sometimes  3  teams  (day  shift  only)   ...:  ■     3.50'  "  '-' 

The  above  list  constituted  the  operating  force,  but  in  addition 
a  part  of  the  salaries  of  Junior  engineer  ($130),  Surveyman 
($60),  Timekeeper  ($60)  ^  iiocdmotive  engineer  ($9Q)  an4  Fir?; 
man  ($60)';  Blacksmith  ($2.50)  and  locomotive  rental  were  ap- 
portioned to  the  work.  : 

Nothing  was  allowed  for  interest  i .and  depreciation,!,- bjit  thp 
plant  cost  complete  and  in  operating,  $28,580,  and  a  proper;  charge 
for  depreciation  could  be  arrived  ^  at  when  the  yardage  ,to  be 
handled  on  a  particular  job  is  known.  , 

A  Record  of  Oable-way  Efficiency.    Engineering  and  Cpntraot- 
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ing,  Aug.  10,  1910,  says  that  a  letter  of  endorsement  recently 
given  by  a  higli  official  of  the  Isthmian  Canal  Commission  to  the 
operator  who  had  charge  of  the  eight  Lidgerwood  Cableways  used 
in  building  the  Gatun  Locks  during  the  preceding  eleven  months 
contains  incidentally  a  remarkable  record  of  eflScieney  of  the  cable- 
wayS;  This  passage  reads  as  follows:'  "These  cableways  so 
far  as  delays  from  breakage  or  repairs  were  concerned,  while 
Working'  12i^  hours  per  day,  have  been  kept  up  to  an  effleiency 
of  99  per  cent."  That  is  to  say,  that  during  this  whole  period 
OnT.'y  1%  of  time  was-  lost  on  account  of  making  repairs.  ■  The 
cableways  referred  to  are  eight  of  thirteen  designed  and  built  by 
ihe  Lidgerwood  Mfg.  Co.  for  the  Isthmian  Canal  Commission. 
These-^ight  cableways'  are  for  biiilding  the  locks  and  are  used 
for  placing  the  concrete  and  reinforcement  and  also  for  handling 
forms.  ''They  are  travelling  cableways  of  800  ft.  span,  operated 
electrically.  They  are  handling  on  every  working  day  more  than 
3,000  cu.  yd.  of  concrete.  '  '  ' 

Cableway  and  Grab  Bucket.  The  following  is  from  a  paper 
by  E.  H.  Baldwin  in  Engineering  'News^  Jan.  14,  1915.  In  ex- 
cavating the  foundation  of  Elephant  Butte  Dam  near  Engle,  New 
Mexico,  three  cableways,  each  1,400  ft,  long  and  of  45Hon  ca- 
pacity, located  60  ft.  apart,  were  used  to  operate  3-cu.  yd.  clam 
shell  buckets.  The  cableway  engines  were  300  hp.j  with  a  hoist- 
ing speed  of  200  ft.  per  min.,  and  a  travelling  speed  of  800  ft. 
per  min.  The  height  of  the  cables  above  the.deepe&t  part  of  the 
excavation  was  350  ft. 

The  material  was  sand  and  gravel:  At  first  it  was  picked  up  by 
the  buckets  without  "  tagging,"  but  it  soon  became  necessary  to 
pull  the  buckets  to  side  points  by  tag  lines  operated  by  2  or  3 
men.  This  method,  consumed  much  time  and  several  2-drum 
electric  hoists  were  substituted  for  the  hand  work.  Shortly 
after  shale  and  limestone  were  reachedj  skips  were  substituted  for 
the  buckets,  but  in  loose  material  the  buckets  worked  efficiently. 
The  loading  time  was  short  as  compared  with  the  travelling  time, 
sofiill  buckets  were  insisted  upon. 

The  best  output  was  1,817  cu.  yd.  for  3  cables  in  3  shifts  of  8 
hr.  each,  722  cu.  yd.  for  3  cables  1  shift,  and  288  cu.  yd.  for  I 
bucket  1  shift. '  . 

A  Derrick  Trolley.  Engineering  News,  Jan.  27,  1916,  gives  the 
following :         „ . 

In  digging  the  lock  pit  for  the  Sabine-Neches  guard  lock  in 
Texas,  caving,  banks  necessitated  considerably  more  excavation 
than  had  been  expected.  The  dumping  area  proved  insufficient, 
and  the  weight  ol  the  deposited  materiar  caused  further  sliding 
of.  the  banks.     As  tlie  amount  of  material  to  be  excavated  was  not 
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sufficient  to  justify  the  purchase  and  erection  of  a  cableway 
or  additional  derricks,  the  derrick  on  the  job  was  rigged  with  a 
trolley  line,  as  illustrated  in  the  sketches. 

The  rigging  of  the  load  line  is  the  same  as  for  ordinary 
hoisting  (see  Fig.  22).  The  trolley  line  is  carried  on  the  middle 
drum  and  runs  through  a  sheave  in  the  bottom  of  the  mast, 
thence  through  a  sheave  in  the  end  of  the  boom,  then  around  the- 
bottom  of  a  sheave  in  the  steel  block,  and  the  end  of  the  line 
is  made  fast  to  the  top  of  a  glnpole.  The  boom  line  is  carried, 
on  the  front  drum,  and  is  rigged  the  same  as  for  ordinary 
derrick  work.     All  lines  are  of  %-in.  wire  rope. 

The  material  box  is  a  1-yd.  open-end  skip.  The  ginpole,  or  tail 
tower,  26  ft.  high,  is  of  yellow-pine  piles,  old  hoisting  rope 
being  used  for  guys. 

This  trolley-line  arrangement  has  been  operated  for  a  distance 
of  300  ft.  with  a  12-ft.  drop.  Experience  shows  that  a  load  of 
at  least  2,500  lb.  is  necessary  to  operate  the  trolley  on  this  flat 
slope.  In  very  soft,  wet  ground,  with  a  gang  consisting  of  a 
foreman  and  five  men  filling  the  skips,  a  foreman,  a  hoisting  en- 
gineer, and  a  laborer  to  dump  the  boxes,  137  skips  were  moved  in 
8  hr.  In  harder  digging,  where  it  was  necessary  to  load  the 
skips  with  shovels  instead  of  by. bailing,  70  skips  were  averaged, 
in  the  same  period. 

Excavation  Cost  with  Cableway,  Hennepin  Canal,  111.  The 
Lidgerwood  Mfg.  Co.  furnishes  the  following  data: 

Tlie  Hennepin  Canal  at  one  point  has  a  bottom  width  of  about 
52  ft.,  side  slopes  of  2  to  1,  depth  of  water  7  ft.,  and  with  a  space 
-from  100  to  125  ft.  left  between  the  edge  of  the  cutting  and  the 
spoil  bank  on  account  of  the  extremely  soft  peat  formation.  The 
stability  of  the  berms  required  material  to  be -spoiled  at  this  dis- 
tance from  the  canal,  making  the  average  haul  over  200  "ft.  The 
li^-yd.  buckets  while  handling  peat  averaged  1.77  cu.  yd.  per 
trip ;  50  trips  per  hr.  were  frequently  made  by  each  bucket,  and 
70  per  hr.  was  recorded  for  a  single  bucket. 

From  Oct.  10  to  Dec.  20,  1904,  which  time  included  60  working 
days,  a  total  of,.131,414  eu.  yd.  were  excavated,  the  complete  plant 
working  three  8-hr.  shifts  per  day.  This  output  was  secured  at 
a  total  cost  of  7.42  ct.  per  cubic  yard,  including  the  total  cost  for 
labor,  fuel,  supplies,  and  a  proper  proportion  of  the  repairs,  as 
well  as  a  charge  against  the  cableways  of  $9.80  per  day  for  the 
general  expense  of  office,  engineering,  and  superintendence  not 
directly  chargeable  to  the  cableway.  The  actual  labor  force  per 
day  of  24  hr.  for  the  cableways  amounted  to  $97.66,  covering  6 
enginemen,  6  firemen,  3  riggers,  3  pump  men,  2  light  tenders,  6 
signal  men,  and  a  track  gang  comprising  15  laborers,  2  teams,  and 
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a  foreman.     Six  and  one-half  toils  of  coal  were  required  per  day  of 
24  hr.     The  cost  of  7.42  ct.  per'  yard  also  includes  the  lights  for 

5teJMaS">B^j,^-Aw/77  Line 
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Fig.  22.     Progressive  Operations  of  Derrick-Trolley  in  Lifting 
and  Transporting  Skip  to  Dump. 

night  work,  as  well  as  coal,  supplies,  and  labor  for  the  locomo- 
tive and  train  service,  which  should  not  be  directly  charged  to 
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cableway  operation,  as  it  ■  was  required  for  general  service  pur- 
poses, handling  supplies  and  men.  «'  ;  j  _• 
The  excavation  during  the  above  period  averaged  8  to  10  ft. 
in  depth.  The  banks  were  extremely  soft,  rendering  the  mainten- 
ance of  the  cableway  tracks  extremely  expensive.  In  fact,  no 
other  form  of  excavator  ■  could  have -been  used,  the  soil  being  too 
soft  to  sustain  a  steam  shovel,  the  cableWay  also  having  the  great 
advantage  of  spoiling  the  necessary  distance  away  from  the  ex- 


Fig.  23,  Lidgerwopd  Duplex  Travelling  Tower  on  Hennepin 
Canal.  Height  57  ft.  Forms_Head  Support  for  One  Cableway; 
Tail  Support  for  the  Other;; Cables,  18  ft.,  Center  to  Center. 


cavation.     For  one  period  of  10  days  the  cableway  operating  cost 
was  only  5.9  ct.  per  yard. 

Drag-Line  Cableway  for  Dredging.  \Aceording  to  Engineering 
Record,  Feb.  17,  1915,  in  dredging  a  200-ft.  channel  of  the  Wis- 
consin River  at  Rothschild,  Wis.,  to  a  depth  of  8  ft.  for  a  dis- 
tance of  1  mi.,  801  cu.  yd:  of  sand  and'^ravel  were  removed  in 
a  10-hr.  day  by  a  2-cu.  yd.'  Shearer  &  Mayer  bucket,  which  op- 
erated on  a  drag-line  cableway  having  a  span  of  480  ft.  The 
average  daily  excavation  was  500  eu.  yd'.  The  engine  and  boiler 
used  in  operating  the  bucket  were  mounted  on  a  movable,  self- 
supporting  tower,  60  ft.  high.  The  tail  end  of  the  cableway  was 
anchored  to  a  bridle  cable,  which,  in  turn,  was  anchored  to  clusters 
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of  piles,  driven  20  ft.  into  the  bed  of  the  river.  In  order  to  keep 
the  drag-line  cableway  at  right  angles  for  different  positions  of 
the  tower  while  working  between  two  clusters  of  piles,  the  cable 
arrangement  shown  in  Fig.  24  was  adopted.  The  plant  was 
operated  day  and  night,  light  being  furnished  by  a  local  power 
company.  The  maximum  number  of  bucket  trips  totaled  53  per 
hr.  For  future  operation  the  tower  is  being  mounted  on  wheels 
instead  of  rollers. 

^i'Cables  to  T(m/ii--A 


~^-..,ooi,u... 1 ^^, I 

i  i  1 

Fig.  24.     Sliding,  Anchorage  pf  Track  Cable.. 


Drag-line  Cableway'  on  levee  Work.  Engineering  News,  Sept. 
10,  1914,  gives  the  following: 

A  cable  drag-scraper  was  used  on  Mississippi  Levee  work  during 
1914.  The  machinery  comprised  a  drag-scraper  bucket,  hung  on  a 
cable  between  two  towers.  One  tower  was  a  braced  structure  of 
considerable  height  located  back  of  the  levee,  and  the  other  was 
a  single  low  A-frame  (with  counterweights  for  balancing  the 
cable )'ilocated  about  500  ft.  riverward.  The  buckets  ! picked  up 
the  earth  from  the  marl  pit  between  the, towers  and  dragged  it 
along  the  levee  where  it  was  dumped.  The  empty  and  full 
buckets  sliding  over  the  levee  served  tp  compact  the  fill.  The 
outfit  used  at  Scanlons'  Landing,  Memphis,  Tenn.,  moved  about- 
1,200  cu.  yd.  per  day  at  a  ^saving  of  about  30%  over  the  team 
scraper  method  usually  employed.  A  4.5-cu.  yd.  bucket  was  Used 
and  deposited  -layers  18  to  24  in.  thick.  The  round  trip  of.  the 
bucket  averaged  about  2  min. 

■Further  data  on  the  use  of  excavators   of  this  type  will.be 
found '  in  the  chapter  on  levees.  •        , 

'  Other  Data  on  Cableways.  In  '  Gillette's  "  Rook  Excavation " 
will  be  found  further '  information  on  the  methods  and  costs  of 
handling  material  with  cableways. 

Belt  Conveyors.     The  essential  parts  of  a  belt  conveyor  are: 
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(1)  the  belt  that  carries  the  material,  (2)  the  runners  upon 
which  it  travels,  and  (3)  the  driving  drum.  Generally  the  belt 
is  of  canvas,  covered  with  rubber,  thicker  at  the  center  than  at 
the  sides.  Upper  runners  carry  the  loaded  belt  and  usually  con- 
sist of  three  wheels  set  so  as  to  form  the  belt  into  a  trough. 
Belt  conveyors  find  their  most  important  use  as  accessories  to 
other  machines,  as,  for  example,  on  dredges,  trench  excavators,  and 
the  like. 

For  a  more  complete  discussion  of  belt-  conveyor  transportation 
see  the  "  Handbook  of  Mechanical  and  Electrical  Cost  Data,"  by 
Gillette  and  Dana. 

Capacity  of  Belt  Conveyors.  R.  W.  Dull,  in  Engineering  and 
ContracUv,g,  Sept.  29,  1909,  gives  the  following: 

Diagrams  25  and  26  are  based  on  good  feeding  conditions.  If 
good  feeding  conditions  are  not  obtainable,  allowance  must  be 
made  on  the  chart.  This  is  a  condition  which  varies  so  much 
we  can  not  set  down  any  rigid  rule,  but.  must  leave  it  to  the 
judgment  of  the  user  of  the  chart  to  make  proper  allowance. 
Variation  as  great  as  50%  is  likely  and  certainly  many  where 
75%  of  chart  rating  is  advisable. .  , 

Material  with  large  lumps,  on  an'  inclined  conveyor,  will  be 
apt  to  roll  back  some,  so'  the  capacity  allowance  should  be  lib- 
eral, and  the  speed  should  be  reduceli  slightly,  if  the  conveyor  is 
carrying  material  down  an  incline,  as  the  motion  of '  the  belt^ 
will  start  the  lumps  rolling  down.  These  lumps  may  possibly 
jump  out  of  the  trough  of  the  belt. 

Conveyors  going  up  an  incline  and  fed  uniformly,  can  usually 
go  up  an  angle  whose  tangent  i»  greater  than  the  co-efficient 
of  friction  of  material  on  the  belt,  because  the  material  forms  a 
back  stop  all  the  way  up  the  incline.  But  if  the  feed  is  inter- 
mittent, the  material  is  apt  to  get  started  down  the  incline  and 
the  motion  of  the  belt  will  have  no  influence  on  the  motion 
of  the  material. 

Conveyors  should  be  fed  so  that  the  material  is  delivered  in 
the  direction  of  motion  of  the  belt  and  with  the  same  velocity, 
as  the  belt  is  moving,  if  possible. 

life  of  Belt  Conveyor.  Assume  150  days  life  (6  months  of 
25  days).  This  is  1,500  hr.  (working  10  hr.  per  day).  24-in. 
belt  cost  $6  to  $9  per  lin.  ft.  of  conveyor  in  1914  for  belt  above 
(capacity  125  tons  per  hr. ).  Assuming  an  average  load  of  70 
tons  per  hr.  the  belt  will  carry  105,000  tons.  Belt  for  100  ft. 
of  conveyor'  will  cost  $600-f900.  Thus  the  cost  of  belting  for 
moving  material  is,  %-l  ct,  per  ton  per  100  ft.,  or  37-55  ct.  per 
tdn  mile.  ^ 

Excavating  a  Cellar  'with  Scrapers  and  a  Belt  Conveyor,    k 
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large  cellar  excavation  19  ft.  deep,  was  dug  in  New  York  in 
-Dec.  and  Jan.,  1899-1900,  by  wheel  scrapers  loading  onto  a  belt 
conveyor.  An  open  trench  about  7  ft.  deep  was  excavated  across 
the  site  to  the  rdver  front.    In  this  trench  was  a  belt  ponveyor 
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Pig.  25.    Diagram  for  Obtaining  "Width  of  Belts.    Kecommendied 
ijt.  i  Speed  Given   on  the   Curve's. 
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Fig.  26.    Diagram  for  Obtaining,  Required  Hp.  to  Run  Belt 
Conveyor. 

30  in.  wide  and  about  250  ft.  long.  Across  the  trench  were  three 
bridges  with  3  x  3-ft.  openings  or  traps,  and  over  these  the  scrapers 
were  hauled  and  dumped.  The  material  was  lifted  20  ft.  by  the 
belt  conveyor  and  dumped  into  barges.     About  1,200  cu.  yd.  per 
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9.5-hT.  iday  were  thus  delivered  by  a  force  of  about  75  men,  two 
2-horse  plows  and  twelve  2-horse  wheelers. 

Power  was  furnished. by  a  small  horizontal  engine; 

The  material  was  a  mixture  of  earth ,  and  rubbish,  contajhing 
many  stones  weighing  over  100  lb. 

A  long  Belt  Conveyor.  In  1908  a  belt  conveyor  2,000  ft.,  long 
was  1  built  for  conveying  shale  from  a  quarry  to  a  cement  plant 
in  the  South.  As  described  by  Mr.  E.  C.  Soper  before  the  Amer- 
ican Society  of  Jlechanical  Engineers  it  consists  of  a  24-in.,  8-ply 
belt  in  two  sections,  one  section  being  1,000  ft.  between  centers 
and  the  other  1,100  ft.  _Tlie  belt  is  flat  and  carried  by  rollers, 
the  top  rollers  being  4  ft.  apart  and  the  return  idlers  ,12  ft.  apart. 
Guide  rollers  about  40  ft.  apart  were  placed  on  the  upper  and 
lower  belts.  The  contraction  and  expansion  due  to  the  exposure 
to  the  weather  are  taken  up  by  tension  carriages  at  each^  belt. 
All  loads  are  carried  down  hill  and  more  power  is  requfred  to 
operate  the  belt  empty  than  loaded.  The  power  is  furnished  by 
two  10-hp.  engines. 

TABLE  I.    COST  OF  COMPLETED  BELTS  INCLUDING  ELECTEICAL 

MOTORS,  TBESTLING,  ETC. 

.  Total  cost 

!    Lumber     ..." $    496.34 

Belt 5,361.52 

Castings ...^ , 1,435.77 

Electrical  equipment,   including  two  lO-hp.  motors..         637.11 

)    Miscellaneous  nails,  bolts,  screws,  iron,  etc. 193.20 

!   Labor     r.... 962.20 

!•"    ,  Total  2,080  ft.  at  $4.37 :..,. I $9,106.16   . 

Note :    '  Length   of   first  section,    center   to   benter,    998   f t. ; 
second  section,   1,082  ft ;    total  2,080^  ft. ;   take-^p   15   ft.    Cost 
I   of  casting  includes  machine  w'ork,  etc.  ', 

TABLE   II.    COST  TO   OPERATE  AND  MAINTAIN  BELT  CONVEYOR 

Per  10-hr. 
Power :  day  Per  ton 

10  hp.  at  Q.4  ot.  per  hp.-hr $0.40  $0.0020 

Labor :      ,      , 

Boy  oiling,   etc.,  $0.75    0.75 

_  Taking  up  slack  once  in  7  days,  2  men,  3  hr 0.17 

Total  labor   $0.92  $0.0046 

Supplies : 
Belt  Jaoing,  waste,  resin,  etc. ..'. $0.20  $0.0010 

Total $1.52  $0.0076 

Oil  (no  charge,  using  waste  oil'  from  large  crushers.) 

■  Interest: 
Interest, '  depreciation,    renewals,    10%   on   investment   of 

9,200    .Z. 52-52  $0.0126 

Grand  total $4.04  $0.0202 


608 


HANDBOOK  OF  EARTH  EXCAVATION 


Tables  I  and  II  give  the  cost  of  installation  and  of  operation. 
The  cost  per  unit  of  operation  is  based  upon  a  capacity  of  200 
tons  conveyed  in  10  hr.  Doubling  the  output  (which  seems  prac- 
tical) will  reduce  the  operating  cost  to  1  ct.  per  ton.- 
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Profile  on  Cenl^r  Line  of  Dam 


Fig.  27.     Plan  and  Profile  of  Goose  Creek  Dam,  Showing  Location 
of  Conveyors. 


Conveying  and  Spreading  at  the  Twin  Falls-Oakley  Project. 

This  work  is  described  in  Engineering  'Sews,  March  13,  1913,  as 
follows : 

Conveyors.  The  land  adjacent  to  the  dam  site  is  very  rough, 
having  many  deep  gulches.  To  have  moved  the  material  com- 
posing the  dam  by  rail  would  have  required  miles  of  contour 
track  laying.  The  location  of  a  suitable  borrow  pit,  as  regards 
elevation,  would  have  meant  impossible  grades  for  dinkey  trains 
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if  bridges  were  built  across  the  gulches.  This  led  to  the  adoption 
of  the  conveyor  system,  as  shown  in  the  general  plan,  Fig.  27. 
The  three  units  are  (A)  a  level  conveyor  920  ft.  long;  (B)  a 
680-ft.  conveyor  on  a  16%  grade;  (C)  a  250-ft.  conveyor  on  a 
3.5%  grade.  These  conveyors  are  built  on  trestles  whose  max- 
imum height  (Conveyor  B)  is  68  ft.  at  Mill  Gulch. 

In  general,  the  bents  have  two  posts,  are  on  24-ft.  centers,  and 
the  stringers  are  on  42-in.  centers.  The  head  drive  and  tail-drum 
frames  are  anchored  in  concrete  which  is  set  on  solid  rock.  The 
belts  are  of  rubber,  36  in.  wide  and  six-ply. 

When  the  dirt  becomes  wet  in  rainy  weather  it  is  very  hard  to 
handle  it  in  the  chutes  at  the  dam.  To  avoid  this  difficulty  as 
much  as  possible,  and  as  a  protection  for  the  belts  against  the 
sun  and  wind,  the  conveyors  were  housed. 

To  take  up  the  slack  in  the  belts,  which  in  the  case  of  long 
belts  is  an  important  consideration,  two  types  of  idlers  were 
used,  one  of  the  gravity  type,  the  other  of  the  "  S  "  type.  Both 
were  efficient,  but  the  latter  has  an  advantage  where  there  is 
little  underneath  clearance.  The  belts  are  run  on  a  speed  of  450 
ft.  per  min.  and  easily  handled  750  4-yd.  cars  in  a  10-hr.  shift. 
This  amount  could  have  been  increased  25%  by  speeding  up  the 
belts  and  loading  heavier.  The  maximum  output  for  both -shifts 
was  made  in  September,  1912,  when  105,000  cu.  yd.,  measured 
in  place,  were  conveyed.  The  average  output  for  the  season  was 
about  95,000  cu.  yd.  per  month.  The  night  shift  handles  about 
90%  of  what  the  day  shift  dees. 

Power  and  Equipment  for  Conveyors.  Conveyor  A  is  driven 
by  a  40-hp.,  2,200-volt,  60-cycle,  3-phase,  type  F.H.,  Westinghouse; 
induction  motor;  Conveyor  B,  by  a  75-hp.  motor  of  the  same  type 
as  the  Conveyor  A  machine,  and  Conveyor  C  by  a  30-hp.  motor, 
also  the  same  type  as  the  Conveyor  A  machine.  Running  under 
no  load  the  conveyor  system  requires  about  50  kw.,  and  when 
under  full  load  from  100  to  -125  kw.  The  variation  is  caused 
chiefly  by  the  run-of-pit  material,  which  at  times  has  a  great  deal 
of  gravel  in  it,  and  again  may  be  all  earth.  The  motors  are 
started  in  succession,  beginning  with  Conveyor  A,  a  signal  sys- 
tem being  used  by  the  motormen  to  communicate  with  each 
other.  In  this  way  the  starting  torque  does  not  exceed  150  kw.  or 
200  hp. 

Current  is  brought  from  a  hydro-electric  plant  on  the  Snake 
River,  a  3%-mile  private  transmission  line  being  built  from  Oak- 
ley to  the  dam  by  the  Construction  Co. 

Feed  Hopper.  A  feed  hopper  of  300  cu.  yd.  capacity  is  built 
over  the  end  of  Conveyor  C  (see  Fig.  28).  It  has  three  com- 
partments, with  individual  openings,  so  that  different  kinds  of 
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pit  material  'may  be  kept  separated  and  conveyed  to  the  dam  as 
needed.-  The  coarser  material  is  used  on  the  downstream  aide 
and  the  more  select  in  the  trenches  and  on  the  upper  toe.  A 
trestle  alongside  the  hopper  carries  the  dirt  trains  out  on  it  so 
that  they  can-  dump  into  the  hopper.    ■       ' 

A  grid  of  parallel  bars,  5  in.  c.  to  c,  with  a  slope  of  4  to  1 
down  from' the' track,  covers  the  hopper.  The  bars  are  %.x4:  in. 
ill  section  and  24  ft.  long.  This  grid  separates  all  large  rock  and 
lumps  of  cemented  gravel  which  cannot  be  broken  up,  and  they  are 
wasted  on  a  near-by  dump.     As  many  as  18  men  have  been  used 


Sectional   Eleva+iort    erf    Lood'rvi    Hopper 

Fig.  28.    Details  of  Loading  Hopper. 


here  when  the  large  cemented  lumps  came,  but  ordinaTilyi  two  or 
three  men  could  keep  the  bars  clear.  ■ ;    . , 

The  openings  under  the  hopper  are  1  ft.  by  4  ft.  wide„  with  no 
doors.  Feed  belts,  8  ft.  wide  of  30-oz.  canvas;  revolving  under 
these  openings,  catch  the  material  and  drop  it  onto  the  con- 
veyor belt.  These  three  belts,  wliich  are  independenti  of  each 
other,  are  operated,  by  chain  drives  and  friction  clutclies  from,  a 
line  shaft  which  extends  to  the  tail  drum  of  Conveyor  C. 

iStdrage  Bin.  On  the  east  cliff,  under  the  head  drive  of  Con- 
veyor A,  and  on,  the  center  line  of  the  dam,  a  storage  bin  is 
built  with  two  chutes  leading  from  it.  This  bin  has  a  capacity 
of  200  yd.  and  was  designed  to  provide  for  the  fluctuation  in  the 
convej'orhaul.  The  two  chutes  are  built  on  trestles  with  a  slope 
pf   47.5°   and  have  a   section,  of  20x22   inJ    They   are   covered 
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with, doors  and  lined  on  the  bottom;  one  with  crescent-shaped 'iron 
castings  and  the  other  \(rith  4-in.  cottonwood  blocks,  set  on  end. 
Both  ichutes  were  satisfactory  except  that  when'  the  material  got 
wet  it  would  cake  against  the  sides  and  bottoi^  and  the  ehtire 
section  of  the  chutes  would  gradually  choke  up.  At  such  times 
it  required  from  two  to  six  men  to  clean  out  one  chute  while  the 
other  was  being' used.  Because  of  this  making,  which  continued 
to  a  certain  extent  throughout  the  entire  season,  it  was  found 
that  neither  the  iron  nor  cottonwood  block  linings  wore  down  to 
any  appreciable  extent. 

-  A  portable  hopper,  with  a'  capacity  of  eight  wagon  loads,  was 
placed  under  the' lower  end  of  the  chutes,  which  are  parallel  and 
S  fls  apart.  The  dump '  -Wagons  come  under  the  hopper  and'  are 
loaded.  When  running  steadily  four  l.S-yd.  dump  wagons  are 
loaded  per-  min.,  one  man  opera,ting'  the  feed'  door'  of  the 
hopper.  Aiiother  man  operates  the'  chute  gates,  which  are  up 
under  the  storage  bin,  keeping  the  portable  hopper  full.  At  first 
the  gates  were  placed  at  the  lower  end  of  the  chutes  and  wagons, 
loaded  directly  from  themy  but  this  proved  very  unsatisfactory, 
as  the  material  -would  pack  and  choke  in  the  chutes  when  the 
gates  were  closed.  The  material  would  not  run  smoothly,  but 
move,4  in  sections,  one  section  making  a  heavy  impact  ag£|,in8t  the 
section  below  when  it  suddenly,  became  released  and  slid  down. 
As  the  fill  of  the  dam  rises,  the  chutes  are  cut  off  and  the  loading 
hopper  raised. 

Belt  Conveyor  on  the  Lahontan  Dam.  In  the  construction  of 
the  Lahontan  Dam.  on  the  Truckee-Carson  Irrigation  Project,  Ne- 
vada, a  Stephen^s-Adamson  belt  conveyor  was  used  fo^  placing  the 
entire-  quantity  of  embankment,  material,  amounting  to  about 
700,000  cu.  yd.  The  construction  of  the  dam  is  described  by  D. 
W.  Cole,  Project  Manager  of  the  U.  S.  Reclamation  Service,  in 
Engineering  News,  Apr.  22,  1915. 

The  embankment  itself  was  composed  of  two  portions.;  the  up- 
stream portion  was  a  prepared  mixture  of  gravel  and  a  volcanic 
ash  or  silt  in  nearly  equal  parts,  wetted  and  rolled  and  thus 
forming  a  fair  cemept.  This  mixture  was  found  by  easeful  and 
repeated  experiments  to  approach  the,  greatest  density  and  water 
tightness.  The  downstream  portion  of  the  embankment  was  built 
of  "  pit-run  "  gravel  to  afford  a  ready  escape  to  the  water  perco- 
lating through  the  upstream  "  water-tight "  section.  The-  belt 
conveyor  system  had  a  peculiar  advantage .  not  only  in  reducing 
the  cost  of  delivery,  but  in  securing  a  perfect  blending  of  the 
embankment  material.  '■  '  ■    '  '^      •')•'' 

The  power  for  the  work  was  supplied  by  a  branch  of  the 
Tr\iclcee  River,  diverted  into  a  Canal  of  the  main  channel  at  Reno, 
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Nevada,  60  miles  away.  The  canal  is  used  for  irrigation  purposes 
and  empties  into  the  Carson  River  af  Lahontan,  a  point  below 
the  dam  ^ite.  Here  there  was  suificient  drop  of  water  in  passing 
through  a  large  penstock  to  operate,  two  1,600-hp.  turbine  wheels. 
These  wheels  were  direct  connected  to  generators  and  furnished 
all  the  power  required. 

In  a  letter  to  the  author  Mr.  Cole  gives  the  following,  data 
relative  to  the  earth  handling  plant :  "  The  borrow  pit  was  sit- 
uated from  ^  to  ^  mile  from  the  dam.  '  Material  was  loaded 
onto  4-yd.  dump  cars  by  electric  excavators.  Seven-car  trains 
were  hauled  by  14-ton  Porter  locomotives  over  S^B-in.  gage  endless 
track,  the  cars  being  dumped  into  bins  of  about  500  cu.  yd.  ca- 
pacity. Under  these  bins  a  36-in.  by  11 0-.in;  belt  conveyor  was 
loaded  by  automatic  feeders  for  delivering  measured  quantities  of 
"  silt "  and  "  gravel  "  for  composing  the  impermeable  embank- 
ment mixture.  The  36-in.  belt  delivered  these  materials  onto 
the  30-in.  conveyor  extending  925  ft.  from  the  storage  bins  to 
about  the  middle  of  the  embankment.  The  total  quantity  of 
material  handled  in  this  manner  was  612,000  cu.  yd. 

The  cost  of  this  conveyor  system  "A"  was  as  follows: 

Conveyor   *'  A  " — 

30  in.  X  925   in.  conveyor    f  8,022.00 

36  in.  X  liO  .in.  conveyor  1,497.00 

Automatic  feeders    1,243.00 

$10,762.00 
Freight    , 1,281.73 

Total    . .' ,. $12',043.73 

Labor  and  superintendence  erecting  supports,  bins,  etc.  $  5,067.41 

Materials,  lumber j 3,732.18 

Materials,    miscellaneous 209.62 

Supplies  and  miscellaneous    1,072.59 

Labors  installing  machinery,  etc 1,878.20 

Overhead    charges    2,369.09 

Total  for  Conveyor  "A"   $26,372.76 

Results  of  operation  were  as  follows: 

Cost  per  cu.  yd. 

Operation  of  Conveyor  "  A "  Total  of  earth 

Labor  —  conveyor  operation    $  9,857.27  $0,016 

Supplies  —  miscellaneous     718.96                0.001 

Power  plant  operation  3,200.54                0.005 

Bepair  plait  operation   1,269.87                0.002 

:        Depreciation    23,062.88               0.038 

Total     $38,109.52  $0,062 

The  main  conveyor  was  driven  by  100-hp.  motor  installed  mid; 
way  of  its  length. 

The  feeders  and  cross  conveyor  were  driven  by  a  20-hp.  motor. 
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Electric  current  was  generated  at  the  site  of  the  work  by  utilizing 
the  drop  of  tlie  main  canal,  and  the  total  cost  of  production  was 
about  1  et.  per  kilowatt  hour. 

Common  labor  was  paid  30  ct.  per  hr.  and  mechanics  ranged 
from  $3  to  $5  per  day.  Work  was  carried  on  in  one  8-hr.  shift 
daily  extending  over  two  years  with  intermissions  of  a  few  weeks 
during  the  coldest  weather. 

^  The  conclusion  is  that  the  work  was  done  at  least  as  cheaply 
and  probably  at  less  cost  than  with  the  borrow  pit  tracks  ex- 
tending out  over  the  dam  on  high  trestles.  Certainly  the  reg- 
ularity and  uniformity  of  distributing  the  material  together  with 
the  perfection  of  mixing  the  materials  in  the  desired  proportions 
were  fair  better  achieved  than  would  have  been  possible  by  dump- 
ing ears  from  any  considerable  elevation.  The  reliability  and 
freedom  from  all  mishaps  with  the  belt  conveyor  ■  were  most  sat- 
isfactory. The  capacity  was  abundant  and;  the  output  was  lim- 
ited only  by  the  ability  of  the  borrow  pit  crew  to  feed  the  belt 
at  one  end  and  the  ability  of  the  distribution  force  to  place 
the  material  in  the  dam  at  the  other  end.  Sometimes  one  and 
sometimes  the  other  of  these  considerations  governed  the  rate  of 
progress  which  was  never  limited  by  the  conveyor. 

ABucket  Elevator  Plant.  Engineering  and  Contracting,  June 
10,  1908,  gives  the  following: 

'  The  bucket  elevator  was  110  ft.  long  between  centers,  and  had  a 
5-ft.  "  lap-over  "  at  the  top  so  as  to  discharge  the  material  into 
the  center  of  a  bin. 

The  elevator  was  operated  at  a  speed  of  250  ft.  permin.,  with 
buckets  spaced  20  in.  apart.  The  material  was  discharged  from 
dump  cars  into  a  "  boot "  at  the  foot  of  the  elevator.  Each 
bucket  had  a  capacity  of  15  lb.,  and,  at  the  rate  of  150  buckets 
per  min.,  the  capacity  was  60  cu.  yd.  per  hr. 

The  speed  of  250  ft.  per  min.  was  noteworthy,  and  was  due  to 
the  special  design  of  the  link  chain. 

This  particular  plant  was  one  installed  for  removing  the  exca- 
vated material  from  the  North  Biver  Tunnel,  built  by  the  Hudson 
River  Railroad  Co.  The  installation  is  one  of  several  made  for 
the  same  company  by  the  Link  Chain  Belt  Co.  of  New  York  City. 
Bucket  Conveyor  for  Backfilling  Retaining  Wall.  W.  F. 
Schaphorst  in  Engineering  and  Contracting,  Aug.  16,  1916,  gives 
the  following: 

A  large  river  wall  was  very  recently  completed  in  Cedar  Rapids, 
Iowa.  This  wall  was  of  concrete  and  was  26  ft.  high  and  designed 
tojprotect  abutting  property  from  the  seasonal  floods  of  the  Red 
Cedar  River.  When  the  footings  were  built  the  mud  excavated 
from  the  site  was  piled  in  front,  forming  an  earth  cofferdam. 
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After  the  wall  had  been  completed  this  same  mud  was  Used  as 
backfill. 

The  problem  -of  moving  the  mud  from  in  front  of  the  wall  to 
its  desired  position  behind  it  was  solved  by  the  construction  of 
a  novel  and  effective  ladder  conveyor.  The  buckets  of  this  con- 
veyor were  wide  strips  of  metal  which  slid' up.  a  plank  at  an 
angle  of  about  60°  with  the  plank  and  emptied  as  they  passed 
over  the  sprocket  at  the  top.  A  gang  of  men  at  the  bottom  sbo'v- 
eled  the  mud  into  the  buckets. 

Bibliography.  "  Handbook  of  Construction  Plant,"  by  Richard 
T.  Dana.  "Cost  Data,"  Halbert  P.  Gillette.  "  Mechanical  and 
Electrical  Cost  Data,"  Gillette  and -Dana. .        -     ; 

"The  Bi-itts  Landing  Quarry,"  R.  D.  Seymour,  Jour.  W.  Soc. 
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CHAPTER  XIV  1 
METHODS  AND  COST  WITH  DRAGLINE  SGKAPERS 

Dragline  or  Power  Scrapers.  These  are  scraper  buckets  pulled 
by  a  cable.  If  the  scraper  is  bottomless  it  is  not  raised  from 
the  ground  when  loaded.  Dragline  scraper  buckets  having  bot- 
toms are  so  rigged  that  they  can  be  hoisted  after  they  are  filled. 

Bottomless  Power  Scrapers.  ,  These  range  in  si?e  from  i^  to  7 
cu.  yd.  capacity.  The  sizes,  weights,  and  prices  of  the  Sauerman 
power  scraper,  are  given  in  Table  1. 

;.    ,  TJABLE   I.    SAUEEMAN  POWEK   SCKAPER     ,,,    ,, 


Approximate. 

apacities 

Dimensions 

--.  Weights 

prices  prior 

cu.  yd. 

ft. 

-   lb. 

to  1916 

4 

3.25 

x.3.5 

xl.3 

1,600 

$250 

% 

4.6 

x3.5 

xl.5 

1,900 

300 

1 

4,5 

x3.6 

x2   ' 

2,300     \ 

350 

1% 

5.5 

x4 

x2.3 

3,000 

425 

2 

5.5 

x4.5 

X  2.3- 

3,600 

600 

These  machines  consist  of  two  heavy  siie  plates  and  a  back 
plate,  with  a  renewable  cutter  edge  fastened  on  a  runner  frame 
pivotally  and ,  adjustably  connected  to  the  back  plate.  When  the 
scraper  is  pulled  forward  the  runner  frame  and  cutter  edge 
are  tilted  to  the  digging  position.  When  the  empty  scraper  is 
pulled  back  this  runner  edge  and  cutter  frame  is  pulled  flat,  thus 
forming  a  sled  for  the  scraper.  The  load  is  not  dumped  but  is 
left  at  the  point  where  .the  scraper  starts  back.  This  is  a  desir- 
able feature  in  ^ticky  material.  Tliese  maelYnes  j;ec[uire  a  35  to 
80-hp.  engine,  %  to  1-in.  haul  back  lines  and  1  to  1%-in.  pull  lines. 

Early  Power  Scrapers.  First  on  the  Chicago  Canal  and  later  on 
the  Massena  Canal  {Engineering  News,  Aug.  15,  1895,  and  Dec. 
15,  1898),  a  power  drag  scraper  was  used.  The  scraper  held  3 
cu.  yd.  of  loose  earth  when  not  heaped  and  had  a  cutting  edge 
7  ft.  wide. 


Fig.  1.    Power  Scraper  on  the  Chicago  Drainage  Canal; 

It  was  operated  by  cables  (Pig.  1)  running  to  a  12%xl5-in. 
engine.  The  towers  at  Masseiia  were  mounted  on  trucks  and 
were  720  ft.  apart.  Cable  A  was  us?d  to  dump  the  scraper.  The 
scraper  worked  there  in  soft  clay,,  cutting  a  deep  swath;  then 
it  was  moved  over  to,  cut  another  swath  leaving  a  ridge  of  earth 
between   the  two   for   the   purpose  of   guiding  the   scraper.     Its 
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output  in  this  soft  clay  was  said  to  be  800  cu.  yd:  per  10-hr.  day, 
but  the  actual  records  on  the  Chicago  Canal  showed  only  250 
cu.  yd.  daily  output.  Mr.  Charles  Vivian  was  the  designed  and 
contractor  in  both  cases.  The  scraper  did  not  work  satisfactorily 
in  hard  material,  nor  in  very  wet  material,  nor  in  frozen  material. 
On  the  Erie  Canal  deepening  (1897)  small  power  operated 
scrapers  were  used  on  one  contract  to  drag  muck  and  earth  over 
to  a  steam  shovel  which  loaded  it  into  cars.  The  engine  was 
mounted  on  trucks.  A  horizontal  wooden  boom  50  ft.  long;  with 
a  sheave  for  the  tail  rope  at  the  end  of  the  boom,  was  fastened 
to   the   engine   truck   platform.     One   or   two   men    attended   to 


Fig.  2. 


I 
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Sketch    Showing    Method  ^f  Stripping. 

Layout  of  Plant  for  Stripping  Overburden  with  Bottom- 
less Bucket. 


loading,  and  dumping  the  drag  scraper  which  they  could  readily 
do  as  it  was  small.  The  hoisting  engine  thus  merely  pulled  the 
scraper  back  and  forth. 

On  the  Suwanee  Canal  {Engineering  News,  Feb.  20,  1896),  a 
power-driven  bucket-scraper  was  used,  the  Trenton  Iron  Co.,  Tren- 
ton, N.  J.,  being  the  manufacturers.  Instead  of  -  towers,  two 
masts  provided  with  guy  lines  were  used.  After  the  bucket- 
scraper  was  loaded  by  a  cable  from  the  engine,  another  cable  lifted 
it,  and  it  traveled  on  a  trolley  Conveyor  to  the  dump,  very  much 
as  buckets  travel  in  the  Carson-Lidgerwpod  cable  trench  machine. 
It  is  said  that  200  cu.  yd.  of  earth  were  moved  daily  for  6  ot. 
per  cu.  yd.  with  this  device. 

Overburden  Stripping  with  Bottomless  Bucket.  At  the  plant 
of  the  Diamond  Sand  and  Gravel  Co.  at  Bedford,  0.,  a  1-cu.  yd. 
Sauerman  bottomless  scraper,  operated  by  a  60-hp.  electric  hoist, 
was  used  to  remove  the  overburden  from  a  deposit  of  gravel,  the 
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material  removed  being  deposited  in  a,  ravine  on  one  side  of  the 
gravel  deposit.  The  hoist  is  a  type  specially  designed  for  scraper 
-•worli,  the  rear  drum  operating  the  ''  pull-baclc'"  cable  having  a 
speed  three  times  as  great  as  the  front  drum.  The  machine  re- 
quires one  operator  and  a  rigger  stationed  at  the  guide  blocks  to 
make  the  necessary  shifts  in  the  line  of  operation.  This  outfit 
installed  represents  an  investment  of  about  $5,000. 

The  top  soil  of  the  hill  is  largely  clay  and  runs  from  nothing 
to  6  ft.  in  depth.  Hard  "  shoulders  '"  of  clay,  when  encountered, 
are  removed  by  "  sawing  "  the  scraper  back  and  forth  over  the 
obstruction.  A  day's  output  will  fluctuate  between  200  and  300 
yd.,  depending  on  the  nature  of  the  material. 

Cost  with  a  Bagley  Scraper  on  Road  Construction.  In  En- 
gtneering  News,  Dec.  17,  I9l4,  F.  W.  Harris  gives,  data  on  the 
use  of  the  Bagley  power  scraper  on  mountain  road  construction. 
He  states  that  it  is  a  most  successful  machine  when  used  in 
connection  with  a  logging  donkey  engine.  The  right  of  way  is 
first  cleared  of  logs,  etc.,  by  the  donkey  engine  operating  a  cable. 
The  scraper  is  then  attached  to  the  same  line.  With  plenty  of 
fuel  and  water  and  a  short  haul  not  exceeding  400  ft.,  a  scraper 
should  remove  at  least  400  cu.'yd.  of  earth  per  day.  In  light 
earth  and  gravel  cuts  with  a  200-ft.  haul  a  2.5-cu.  yd.  scraper 
will  push  another  0.5  cu.  yd.  of  material  ahead,  and  should  easily 
move  1,000  cu.  yd.  in  10  hr.  These  scrapers  are  unsuccessful, 
however,  in  mucking  out  blasted  rock.  They  will  handle  all 
kiftds  of  loose  earth,  gravel,  and  boulders  from  1  cu.  ft.  to  0.5 
cu.  yd.,  but  the  material  must  be  loose.  Wherever  the  fill  is  of 
considerable  q-  antity,  the  haul  short,  and  the  material  sandy  or 
gravel,  scraper  work  should  cost  about,  7  ct.  per  cu.  yd.  On 
general  road  work,  where  time  is  lost  in  moving  up,  splicing  lines, 
removing  large  boulders,  etc.,  the  average  cost  will  run  from  15 
to  20  ct.  per  cu.  yd.,  to  which  must  be  added  from  3  to  5  ct.  per 
cu.  yd.  for  finishing  as  the  scraper  leases  the  work  in  a  rough 
shape. 

On  certain  work  two  scrapers  were  in  use,  each  having  a  capa- 
city of  2.5  cu.  yd.  One  donkey  engine  was  11  by  13  in.  in  size, 
andfthe  other  IO14  by  10%  in.  The  wire  cables  had  the  following 
dimensions :  main  line  1%  in.  and  haul-back  line  1%  in.  ,    ' 

The  10-hr.  daily  cost  of  a  road  gang  was  as  follows : 

Foreman    $  6.00 

Engineman     .' 3.50 

,         Fireman ;-,.  ,2.75 

'       Hook  tender   4.50 

Pumpman     ' 300 

Two  rigging  men  @  $3  6.00 

Total  labor  on  scraper  $25.75 
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I  lOmB  team  hauling  fuel  or 'two  men  cutting  on  right  of  way...    $  6.00  ■  - 

Fuel    ., ■  10,00 

Use  of  donkey  engine  including  depreciation,  cable  costs,  etc.  '  10.00 

Two  teams  and  teamsters  for  finishing  @ '  $6  '    12.00.^ 

Four  laborers,  finishing,®  $2.50  .10,00 

,     Totaldaily  cost   ...:......;. .-' $73.75' 

Assuming  400  cu.  yd.  for  an  average  day's  work,  the  cost,  will 
be.  $0,185  ,per  eu,  yd.  _  *,.,.; 

A  Power  Scraper  for  Handling  Mud.  Engineering ,  and  Qofir 
tracting,  Sept.  11,  1910,  gives  ,the  following;  In  excavating  the 
Long  Island  open  cut  and  tunnel  approaches  ;to  the  new  Penn- 
sylvania R.  R.  East  River,  tunnels  a  considerable  pcirt^on,  pf  the 
overlying  swamp  mud  unsuitable,  for  embankment  was  wasted 
over  an  adjacent  area  of  swamp  land.     As  thisi  swamp  area  was 


.^i^^ltoJi, 


Rope  "a"-io  tbrAve  At  ilpsilmaD 


Fii^t  Position, 

ncpc  "a"  to  sheave  at  deadman 
Rope  "li"  to  tlinu]  on  engine 


Second  Position  ' 

Fig.  3.    Rigging  for  Scraper  Bucket. 

of  such  a  character  that  spoil  car  tracks  could  not  be  laid  or 
maintained  on  it,  use  was  made  of  drag  line  scrapers  to  dis- 
tribute the  spoil.  On  one  side  of  the  swamp  area  two  travelers 
were  mounted  so  as  to  run  back  and  forth  along  the  edge  of 
the  swamp.  A  double  drum  hoisting  engine  mounted  on  each 
traveler  operated  a  scraper  rigged  as  in  Fig.  3.  Referring ;to  the 
drawing,  the  scraper  was  pulled  forward  by  the  rope  a  which 
passed  through  a  sheave  attached  to  a  deadman  on  the  opposite 
side  of  the  swamp  frgm  the  traveler,  while  the  rope  5  was  allowed 
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to  runjoose  as  shown  by  the  upper  sketch,  of  the  djawing  until 
it  was,  desired  to  dump  the -scraper.  This,  was  accomplished ,  by 
clamping  the  lower  drum  operating  rope,  o,  and  pulling,  the  rope  6 
until  the  scraper  was  in,  the  position  shown  in  the  lower  portion 
of  the  dra-wing  yfhen  a  slight  pull  on  the  rope  o  with  rope  ,  6 
slacked  a  corresponding  amount  completed  the  turn.  The  scraper 
was  pulled  back  .to  the  starting  point  by  the  rope  6.  ,j, 

A  Bottomless  Scraper  for  loose  Material.  Engineering  and 
Contracting,  Msiy  \5,  1912,  gives  the ,  following :  Fig.  4  is  a  type 
much  lifted  in  the  Joplin,  Missouri,  mining  district;  for  loading 
mine   tailings  ,  into   cars.     It   should   prove  useful   for  .handling 


Bottomless  Drag  Scraper  for  Loose  Materials. 


loose  material  of  other  kinds.  This  scraper  has  no  bottom  and 
thus  handles  the  material  by  pushing  it  ahead  of  it.  -It  is  oper- 
ated by  means  of  tail  and  head  ropes  from  a  two  drum  engine. 
The  scraper  illustrated  is  5  ft.  2  in.  long  3%  ft.  wide  in  front  and 
4  in.  wider  at  the  rear,  an(}  is, 14  In.  deep.  ,        ,,,   ,j„    . 

A  Power  Scraper  and  Wagon  Loader.  Engineering, .  and  Con- 
tracting, Dec.  9,  1914,  > gives  the  following:  The  .machine  con- 
sists of  an  inclined  runway  mounted  on  a  truck,  together  with 
a  drag  scraper.  The  scraper  is  hauled  -  back  into  tbe.  excava- 
tion 100  to  500  ft.  for  its  load,  which  it  carries  up  the  runway 
of  tl^e  incline  and  dumps  automatically  into  a  hopper  at  the  top 
to  be  loaded  into  wagons.  The  scraper  is  dragged  by  a  ,co^ltinuous 
drag  line  running  over  a  pulley  at  the  top  of  the  n),achine  a,nd, 
another  pulley  anchored  at  any  convenient  point  in  the  excavai 
tion.  Power  Is  supplied  by  a  gasoline  engine,  ..or  an  electric 
motor.  The  hopper  from  which  the  wagonfe  are  loaded  has  a  capa- 
city of  1^  cu.  yd;  and, the  gajte,.  placed  6  ft.  above,  the ;gro\ind,  may 
be,  operated  by  the  engineman..  ,  A,  125-gal.,  water  ta,nk  is  mounted 
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on  the  truck.  The  front  wheels  under  the'  macihine  are  in  pairs, 
permitting  easy  rotation  of  the  apparatus  to  load  from  any 
position  of  the  excavation. 

The  outfit  is  manufactured  in  three  sizes  of  6,  10  and  20  cu.  ft. 
scraper  capacity  and  has  a  rated  output  at  100-ft.  haul  of  15, 
25  and  40  cu.  yd.  per  hr.  for  each  size,  respectively:  The  maxi- 
mum heights  vary  from  14  ft.  to  16  ft. ;  leilgth  from  20  ft.  to  22 
ft.;  widths  from  5%  ft.  to  8  ft.;  and  shipping  weights  from 
7,000  lb.  to  12,100  lb.  Engines  vary  from  10  to  25  hp.  Scraper 
speed  inay  be  varied  from  150  to  350  ft.  per  min.  Under  ordi- 
nary conditions  a  cost  of  4  ct.  per  cu.'yd.  for  excavating  and 
loading  is  claimed  for  their  machines. 

The  apparatuses  manufactured  and  sold  by  the  Insley  Mfg.  Co., 
Indianapolis,  Ind. 


Fig.  ^.     Power  Scraper  and  Wagon  Loader. 


Portable  Derrick  Excavator.  Engineering  and  Contracting, 
Oct.  14,  1914,  gives  the  following:  This  excavator  (Fig.  6)  will 
handle  a  %-cu.  yd.  bucket  on  a  20  to  22-ft.  boom  with  a  range  of 
hoist  up  to  12  ft.  Except  the  boom,  which  is  wood,  the  con: 
struction  is  steel  and  steel  outriggers  are  provided.  Where  con- 
ditions do  not  permit  the  use  of  outriggers,  guy  ropes  can  be 
substituted.  The  machine  is  transported  6y  team  and  pole,  neck- 
yoke  and  single  and  double  trees  are  provided.  The  engine  is^ 
vertical,  double  cylinder  and  geared  giving  a  rope  pull  of  4,200 
lb.  at  a  speed  of  100  ft.  per  min.  All  other  par-ts  including  wire 
rope,  blocks  and  fittings  are  the  manufacturers'  standard  except 
the  digging  bucket  which  may  be  any  make  preferred  by  the 
purchaser.  The  machine  has  a  digging  capacity  of  20  cu.  j'd.  per 
hr.  and  in  actual  work  has  shown  much   higher   records.    The 
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cost  of  (the  machine  is  under  J2,000.  It  is  made  by  the  John  F. 
Byers  MajChine  Co.,  of  Ravenna,  Ohio. 

A  similar  machine  made  by  the  Economy  Excavator  Co.,  Iowa 
Falls,  Iowa,  is  shoyn  in  Fig^  ,§.   - 

Cableway  Scraper  for  '^deltilf  Work.  Engineering  and  Con- 
tracting, Oct.  9/  1907,  /gives  thp  following:  The  arrangement 
illustrated  in  Fig.  7,  Was  used ,  in  removing  part  of  a  Mil  face 
that  caused  a  skew;  pressure  on  a  tunnel  being  constructed 
through  a'  hillside.  "".As  shown,  the  device  consisted  of  a  timber 
tower,  about  50  ft.  high,  ip  which  was  attached  a  suspension 
cable  of  1^-in.  wire  rope,  secured  at  the  uphill-,  end  to  a  movable 
holdfast,  which  alloyed   swinging  the   cable  laterally   with  the 


Fig.  7.     Cableway  Scraper  for  Sidehill  Work. 

tower  as  the  center.  A  boiler  plate,  scraper  pan,  ,y^  ft.  wide,  was 
suspendBd  from  a  traveling  block  on  the  cable.  Up  and  down 
haul  lines  were  attached  tO'  the  scraper  by  a  bridle  arrangement, 
and  led  to  the  drums  of  a  hoisting  engine  placed  at  the  foot  of 
the  tower.  The  suspension  cable  was  also  led  to  one  drum  of 
the  hoist  by  suitable  blocks.  This"  allowed  the  cable  with  travel- 
ing block  and  scraper  to  be  raised  or  lowered  by  winding  on  or 
off  the  drum;  and  consequently  the  feed  of  the  scraper  was  under 
control  as  it  descended  the  hill. 

The  material  was  a  gravel  face,  the  work  being  done  during 
the  winter  months,  with-  temperature  far  below  zero,  and  the  hill 
face  deeply  frozen.  Before  the  scraping  was  begun  a  V-shaped 
gulley  for  the  scraper  to  run  in  was  made  by  blasting  out  stumps 
and  frozen  earth,  afteij  which"  the  sides  were  picked  down  to 
furnish  loose  material  to  the  >  s(y;.%per.  At  the  tower  the  scraper 
emptied  into  a  plank  chute  6  ft.  wide,  with  sides  1  ft.  high.  The 
chute  was  placed  at  an  inclination  1%  to  1,  which  was  enough, 
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except  when  the  gravel  was  wet  from  snow  or  rain,  and  Ih^n  the 
fine  sand  clogged  and  had  to  be  removed  with  pick  and  shovel. 
When  the  earth  piled  up  at  the  moiitli  of  the  chute,  a  new  chute 
higher  up  or  slightly  to  one  side,  was  constructed.  Beside  filling 
itself ,.  the  scraper  jwould  of  ten  push  down  a  largeinass  of  gravel, 
thus  sometimes  carrying  down  from  4  to  6  cu.  yd.  per  trip.  The 
gravel  wore  out  the  bottom  planking  of  the  chute,  two  sets  of 
3-in.  plank  being  used  up:  About  30,000  cu.  yd.., were  excavated 
at  a  cost  of  30  ct.  per  cu:  yd.y  this  cost  including  running  hoist; 
rigging  scraper  and  material  and  labor  in  building  the  chute. 

Leveling  Ground  with  Power  Scraper.  •  James  C.  Bennett,  in 
Engineering  and  Contraoting,  Dee.  4,  1912,  gives;  the  following: 
Gold  dredging  has  in.  years  past  left  considerable  areas  of  ground 
within  the  city  limits  of  Oroville,  Cal.,  in  an  unsightly  condition. 
More  recently  the  city  has  demanded  in-  new  work  that  the 
dredges  restore  the  "  worked "  ground  to  a  surface  approximat- 
ing the  original.  At.  the  outset  of  the  work  of  restoration,  at- 
tempts were  made  to  use  horse-drawn  scrapers.  Owing  to  the 
character  of  the  material,  however,  the  costs  proved  prohibitive, 
and  a  more  economical  method  was  .  soiaght.  ,  The  "  boats,"  as 
they  are  called  locally,  deposit  the  gravely  sand,i  and  clay  in 
irregular  piles  varying  in  height  from  8  or  10  to-  25  and  30  ft. 
above  the  original  surface  level.!  The  deposited  ■  graVel  contains 
rocks  ranging  in  size  from  sand  to  20  or  24  in.  in  diameter,  and 
in  some  places,  a  considerable  quantity  of  clay  and  sand.  .  This 
makes  a  material  that  is  very  difficult  to  handle  economicallyj 
as  it  is  hard  to  fill  a  scraper  to  anything  like  its  capacity.  In 
using  rhorses,  the  work  was  fbund  to  be  very  severe  on  the  stock, 
and  a  team  was  rendered  unfit  for  service  after  a  very  short 
time.     .  .  ' 

The  equipment  that  is  described  was  developed  by  one  of  the 
dredging  companies,  and  has  been  used  in  leveling  an  extensive 
area.  Until  a  short  time  ago;,  howeverj  it  was  never  used  where 
there  was  any  necessity  for  working  to  grade;  so  that  little  or 
nothing  was  known  of  the  cost  per  cu.  yd.  of  material  handled. 
Consequently,  when  the  writer  attempted  recently  to  learn  what 
should  be  a  reasonable  price  at  which  to  contract  for  a  job  of 
making  a  fill  for  a  street  grade,  filling  a  large  water  hole  to  a 
grade  above  that  of  standing  water,  and  raising  a  part  of  the 
ground  to  a  gl-ade  suitable  for  building  lots,  the  only  data  that 
could  be  obtained  were  some  records  of  costs  per  alere— ranging 
from  $175  to  $200.  Aaiaa.been  pointed  out,  these,  gave  no  con- 
sideration to  the  yardage  involved,  so  that  the  information  was  of 
little  value. 

Finally;  the  contractors  and' the  writer  agreed  on  a  lump  sum 
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for  the  job,  based  on  an'  estimate  of  the  time  required  to  do 
the  work.  Sufficient  record  of  previous  work  was  available  to 
afford  reliable  information  as  tp  the  daily  expense  of  such  work, 
so  that  such  an  estimate  was  mutually  looked  upon  as  the  most 
satisfactory.  The  estimated  time  for  the  completion  of  the  job 
was  75  days,  which  should  cover  repairs,  setting  deadmen,  mov- 
ing lines  and  blocks,  and  moving  the  machine  from  one  position 
to  another.  The  elapsed  time  between  start  and  finish  of  the 
work  was  82  working  days.  Of  this,  62  days  were  occupied  in 
actual  scraping,  10  days  in  moving  lines  and  winch,  and  making 
repairs,  and  there  were  10  working  days  in  which  no  work  was 
done  for  reasons  not  attributable  to  the  work  in  question.  The 
time  devoted  to  actual  scraping  during  the  62  days  averaged 
7  hr.  per  day. 

Close  record  was  kept  of  the  number  of  loads  hauled,  and,  at 
intervals,  the  loads  were  measured.  It  is  believed  that  1%  cu.  yd. 
is  very  nearly  a  correct  average  load.  The  total  number  of  yards 
moved,  based  on  the  number  of  trips  hauled,  was  15,300.  The 
regular  crew  consisted  of  a  winchman  and  two  helpers.  Had  this 
work  been  done  in  conjunction  with  some  other,  it  would  have 
been  unnecessary  to  retain  both  helpers  continuously  on  the  job, 
since  but  one  is  needed  during  the  time  that  the  scraping  is  in 
progress.  His  work  is  to  .watch  at  close  range  and  direct,  by 
signal,  the  loading,  of  the  scraper.  The  second  helper  is  required 
principally  in  moving  blocks  and  lines  from  one  deadman  to 
another.  • 

A. little  study  of  the'job  prior  to  starting  the  work  of  scraping 
materially  lessened  the  lost  time,  since  nearly  all  of  the  deadmen 
were  set  before  the  filling  was  begun.  Thus  it  was  only  neces- 
sary to  stop  the  work  for  such  length  of  time  as  was  required 
actually  to  move  the  lines  from  one  block  anchorage  to  another. 
During  the  e.Kecution  of  the  work  the  winch  itself  was  moved 
twice,  that  is,  it  occupied  three  positions  including  the  one  in 
which  work  was  started.  Throughout  the  greater  part  of  the 
work  the  hauling  line  was  run  through  one  block  only,  while  the 
back  line  ran  through  three  most  of  the  time.  The  costs  of  the 
job  were  as  follows: 

1  winchman    i      5.00 

2  helpers,   at  $2.50 B.OO 

,  1  horse  (for  moving  lines,  etc.)   '. '  1.00 

133.33  kw.  hr.,  at  2Vi  ct 3.00 

Total  per   day    %     14.00 

Total  Cost: 

72  days,   at  ?14    $1,008.00 

Repairs  (materials  only,  labor  being  included  above)  35.00 
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4-horse   team,    man   and   sqraper.   resurfacing  street 

grade,  1  day 10.00 

60O  ft.  second  hand,  I'A-in.  hauling  line  54.00 

600  (t.  second  hand,  %-in.  back  line  30,00 

Depreciation   at   10%    120.00 

Total  cost  for  the  job $1,257.00 

From  the  foregoing  figures  it  will  be  seen  that  the  unit  cost 
for  the  job  was  8.2  ,ct.  per  cu.  yd. 

In  the  above  statement  of  costs  there  are  one  or  two  items 
that  involve  a  slightly  heavier  charge  against  the  job  than  is 
strictly  just.  The  depreciation  charge  is  probably  a  little  high, 
since,  aside  from  the  scraper  itself,  there  is  not  a  particularly 
heavy  wear  and  tear  on  the  equipment.  The  full  cost  of  the 
ropes  is  included,  althoiigh  the  sam^  ropes  would  probably  have 
served  for  the  handling  of  an  additional  2,000  or  3,000  cu.  yd.  of 
material.  The  second-hand  ropes  were  secured  from  mines  where 
they  had  been  discarded  as  hoisting  ropes  in  compliance  with 
state  mining  laws  which  limit  the  service  of  such  ropes  to  a  com- 
paratively short  time  owing  to  the  extent  to  which  human  life 
is  dependent  upon  its  reliability.  At  the  conclusion  of  the  work 
the  following  figures  'were  derived : 

Average  length  of  haul,  ft ^T;'..  175 

Average  day's  duty,  cu.  yd 247 

Average  hourly  duty,  cu.  yd 35.2 

Largest  day's  duty,  cu.  yd 425 

A  50-hp.'  constant  speed  motor  was  belted  to  the  first  of  two 
pinion  shafts,  and  was  kept  running  continuously  while  scraping 
/  was  in  progress,'  thus  reducing  the  time  of  reversing  the  travel  to 
a  minimum.  In  the  preparation  for  the  job  a  temporary  power 
line  of  4,000  or  5,000  volts  was  run  to  the  edge  of  the  work, 
where  tbe  transformers  were  set  on  the  ground.  From  the 
secondary  side  ,of  the  transformers  a  440-volt  current  Was  carried 
to  the  motor  by  means  of  an  armored  three-conductor  cable. 
This  cable  was  a  piece  of  discarded  gold  dredge  equipment.  By 
this  arrangement,  it  was  possible  to  move  the  winch  with  its 
own  power  from  one  part  of  the  wo^k,  to  another,  and  still  leave 
the  tran^Qrmers  undisturbed.  At  first  thought,  the  charge  for 
electric  povver  —  2%  ct.  per  kw.  hr.— seems  high,  bui  in  view 
of  the  erection  flf  the  temporary  pole  line, by  the  power  company 
and  delivering  the  current  to  the  transformers  at  whatever  point 
on  the  work  the  contractors  selected,  it;  will  be  found  a  very 
reassonabl^  .charge.    _,        ,  ,     . 

The  speeds  of  both  hauling  and  back  lines  were  approximately 
130  ft.  per  min-  This  proved  a  very  satisfactory  speed  for  the 
hauling  line,  thpugh  in  other  material  a  ra^te  of   150   ft.  could- 
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undoubtedly  be  used  to  excellent  advantage.  For  the  back  linS 
the  speed  of  130  ft^  was  slow,  and  should  have  been  increased  to 
not  less  than  150  ft.  per  mini,  while  it  is  quite  possible  that  175 
ft,  would  I(ave  given  good  results. 

The  scraper,  12  ft.  long  over  all,  was  built  of  good,  sound,  2-in. 
planks,  secured  to  steel  epd  plates,  and  the  whole  thoroughly 
strapped  with  ^x3-in.  bar  steel.  A  bail  iron  was  attached  to 
each  end  plate,  and  carried  on  around  the  back  as  a  reinforce- 
ment. At  the  outset,  some  experimenting  was  required  before  the 
bail  irons  were  set  at  the  angle  that  gave  the  best  results  in 
filling  the  scraper.    During  the  progress  of  the  work,  the  angle 

J-Polisfor^weightasneeded 
■■^Bai^  Straps 
e'Plonlrs 


^^:\->'-'-iApprDxitnofe  Arale  of 
ivp,"-  Digging  PiKh 


arjjiv  £ngi,Confg.  ^ 

Fig.  8.     Wooden  Scraper  for  Leveling  Ground. 

Wa,s  changed  once  or  twice  o^iving  to  varying  conditions  of  ground 
and  material.  The  back  line  was  attached  by  means  of  short 
bail  irons  projecting  to  the  rear  of  the  scraper.  Here  again  some 
experimenting  was  necessary  before  the  irons  were  set  at  the 
angle  that  would  unload  the  scrapfer  to  the  best  advantage.  Dur- 
ing the  greater  part  of  the  work  it  was  only  necessary  to  reverse 
the  rope  travel  with  a  light  jerk  to  discharge  the  load,  as  the 
rear  bail  irons  were  So  set  that  the  scraper-  was  tipped  fairly 
well  forward  so  that  it  .was  easily  withdrawn  from  under  the 
load.  On  some  of  the  work,  however,  there  was  so  much' wet 
and  very'  sticky  clay  that  quite  a  hard  jerk  was  necessary  to 
cl-ear  the  scraper  of  its  load.  In  this  the  operator  soon  became 
so  skilled  that  very  little  time  was  lost  on  this  account. 

Canal  Work  with  a  Power  Scraper.     This  device  was  designed' 
by  James  E.  Hall,  for  work  on  the  Swanee  Canal,  Ga.,  and  is' 
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described  in  Engineering  News,  Feb.  20,  1896.  It  consisted  of 
two  guyed  masts,  supporting  a  1%-in.  carrier  cable  i6l  200  ft. 
span,  on  wliich  a  2-wheeled  carriage  traveled.  Power  was  sup- 
plied by  a  double-cylinder,  three-drum  hoisting  engine.  The 
scraper  is  a  rectangular  bucket  with  the  lips  fitted  with  cutting 
edges.  The  haul  or  load  rope  led  directly  from  the  bucket-bail 
through  a  sheave  at  the  top  of  the  head  mast  to  a  drum  on  the 
engine.  The  hoisting  rope  led  from  the  bail  of  the  bucket  through 
a  sheave  on  the  cableway  carriage  to  a  second  drum.  This  rope 
was  also  used  to  pull  the  carriage  and  bucket,  back  from  the 
spoil  bank.  A  third  rope,  the  out-haul  or  pull-back  rope,  led 
from  the  bottom  of  the  bucket  through  a  sheave  on  the  cable 
carriage,  thence  through  a  sheave  on  the  tail  mast,  and  back  to 
the  engine. 

The  crew  required  consisted  of  an  engineman,  a  fireman,  a 
helper,  and  one  signal  and  general  utility  man,  besides  two  men 
who  prepared  anchorages,  set  masts,  etc.  The  daily  operating 
cost.  Including  fuel  and  oil,  was  $12.  The  output  was  250  to  300 
cu.  yd.  per  hr.  day.  The  total  unit  operating  cost  was  about 
6  ct.  Shifting  requif'ed  1  to  li^  hr.,  and  out  of  11  hr.,  3  were 
consumed  in  moving,  oiling,  repairing,  etc. 

Loading  Wheelscrapers  with  an  Engine.  In  Engimeering  News, 
June  23,  1904,  G.  H.  Dunlop  described  the  method  used  in  exca- 
vating a  canal  in  Australia.  The '  cutting  was  in  clay,  and  was 
40  ft.  wide,  42  ft.  deep,  with  side  slopes  of  1  to  1.  The  material 
was  excavated- by  wheelscrapers,  holding  16  cu.  ft.,  drawn  by 
two  horses.  Instead  of  using  a  snatch  team,  an  engine  was 
placed  on  the  bank  and,  by  means  of  a  %-in.  cable,  assisted  in 
loading.  This  rope  was  attached  and  detached  from  the  scraper 
poles  by  a  laborer.  A  pony  ridden  by  a  boy  dragged  the  rope 
from  place  to  place  as  required. 

On  another  piece  of  work  where  the  cut  was  shallow  and  the 
bottom  width  was  117  ft.,  the  engine  was  placed  in  the  bottom  of 
the  cut.  The  depth  of  cutting  was  regulated  by  a  gage  wheel 
under  the  rear  end  of  the  pole.  In  deep  parts  of  the  cut  the 
pole  was  removed  and  replaced  by  a  third  wheel.  The  scraper 
was  loaded  by  the  engine,  and  then  hauled  out  of  the  cut  by  a 
long  rope  attached  to  horses  traveling  on  the  bank. 

Power  Scraper  Work  in  Oregon.  C.  G.  Newton,  in  Engineer^ 
mg  News,  Oct.  20,  1904,  gives  the  following:  A  power  scraper 
was  used  to  excavate  gravel  under  several  feet  of  water  in  the 
bed  of  the  Grande  Ronde  River,  Oregon.  It  dragged  :  the  ma- 
terial 200  ft.  up.  an  apron  and  dumped  it  on  cars.  A  30-yd.  car 
was  loaded  in  16  min.,  and  another  car  moved  up  to  its  place  in 
12  min.     The  cost  was  7  to  8  ct.  per  cu.  yd.  i ,    . , 
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At  Portland,  Oregon,  hard,  stiff,  blue  clay,  and  a  covering  of 
1  ft.  of  silt  was '  excavated  froin  Guild's  Lake.  The  materialwas 
hauled'  from  400  to  700  ft.  and  dumped  over  a  bulkhead.  4.5  ft. 
high  at  the  rate  of  600  to  800  eu.  yd.  per  day.  The  cost  was 
14  ct.  per  cu.  yd.  .      • 

The  cost  of  moving  dirt,  sand  or  gravel  under  average  condi- 
tions with  a  400-ft.  haul,  for  street  grading  i  work, :  was  as  fol- 
lows per' 10-hr.  day: 

Donkey   engine $2,260 

41^  yd.  Hammond  scraper ;; ; ''    500 

Lines 500 

Blocks 150 

Miscellaneous    300 

Total   plant    ■■    f3,700 

TiitBrest,  8%  on  $3,700^270  days   „.. $0.81 

.Depreciation    ..,.,...., ••■■■■. 9*20 

1  engineman    ;....' ..'.':'.'.-.. '3:00 

1  foreman'     ,.^,.:,<ii(i.,t., 3.50 

1  fireman ,.....f ... 2.50 

1  ton  coal   ;./.'..".'..'>.'.:.','....  5.50 

1  coal  tender    •. .U.-.,»..aw. ..  ■  2-.50, 

-'   Oil  supplies  , ...^w... 1.00 

Repairs  to  lines,  etc - .'.'i .'.'.' 2.50 

Total  per  day,  405  cu.  yd.  at  7.35  ct .....,,..    $30.51 

Power  Scraper  Work  in  Alaska.  Engineering  and  Contracting, 
Feb.  26,  1908,  gives  the  following:  'lu  the  Klondike,  steam 
scrapers  are  often  used'  in  handling  tailings  from  the  creek-min- 
ing operations.  The  ordinary  power  scraper  outfit  used  in  opera- 
tions on  tailings  consists  of  a  scraper  of  from  %  to  14  cu.  yd. 
capacity,  operated  by  a  double  drum,  2-cylinder  hoist,  of  .25  to 
30  hp.  This  outfit  handles  on  an  average  250  cu.  yd.  of  loosef 
material  in  24  hr.  at  an  average  cost  of  49  ct.  per  cu.  yd.  In 
explanation  of  this  high  cost  it  may  be  stated  that  the  wages  of 
laborers  are  about  $5  per  day  with  board,  or  $8  without  board; 
that  bituminous  coal  at  Nome  -costs  $17  per  short  ton,  and  that 
spruce  wood  for  fuel  costs  about  $12  per  cord. 

The  scrapers  drag  the  material  from  the  pit  to  the  dump,  a 
horizontal  distance  df  from  100  to  300  fti,  and  a  vertical  distance 
of  20  to  50  ft.  The  gang  employed  usually  consists  of  three 
to  four  men  —  a  fireman,  a  hoistman  and  either  one  or  two  men 
to  fill,  guide  aUd  dump  the  scraper.  The  form  and  rigging  up 
of  the  scrapers  and  the  system  of  sheaves  and  drawback  usually 
employed  are,  shown  in  Fig.  9.  Toothed  scrapers  are  not  always 
used,  but  are  preferred.- 

An  adaptation  of  one  of  these  plants  was  used  in  stripping 
loam  in  excavating  for  a  reservoir  at  Portland,  Ore.  In  this  ease 
a  bottomless  scraper  was  used;  -  The  scraper  had  a   theoretical 
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capacity  of  6  cu.  yd.,  but  actually  handled  about  3  yd.  In  the 
work  in  seven  10-hr.  days,  stripping  to  4  ft.  in  depth,  400  cu.  yd. 
per  shift  were  handled  by  the  outfit.  Furrows  300  ft.  long 
were  'made  by  the  scraper.  A  60-hp.  boiler  was  used  but  only 
one  cord  of  wood,  at  $2,  was  burned  per  day.  A  double  drum 
hoist,  provided  with  10xl2-in.  cylinders  and  geared  6  to  1,  was 


Fig.  9.     Arrangement  in  Power  Scraper  Work. 

used.  The  gang  consisted  of  a  winchman,  a  fireman,  arid  two 
scraper  men,  at  $2.50-  per  day.  Under  these  considerations  the 
operations  were  said  to  cost  about  5  ct.  per  eu.  yd. 

Loading  Scrapers  by  Power.  Engineering  and  Contracting, 
Sept.  18,  1012,  gives  the  following:  In  excavating  for  a  small 
artificial  lake  for  the  site  of  a  residence  at  Libertyville,  III.,  the 
contractors  used  four-wheel  Maney  scrapers  and  loaded  them  by 
power  from  a  stationary  engine. 
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The  lake  is  about  400  ft.  in  diameter,  and  the  material  exca- 
vated consists  of  a,  very  hard  brick  clay,.  At  the  start,  snatch 
teams  were  employed  to  i  aid  in  loading  the  scrapers,  but  they 
were  replaced  by  a  10-hp.  doublp-drum  engine.  The  engine  is 
located  on  the  bank  of  the , lake  .pit  (Fig.  10)  and  a  %-in.  steel 
oable  is  run  from  each  drum::to  a  double  sheave  block  about  50 
ft.  from  the  engine  and  through  this  block  to  any  point  in  the 
pit.  A  small  hook  on  the  end  of  the  cable  is  attached  to  the 
tongue  of  the  scraper  and  pulls  it  along  over  the  plowed  ground 
until  it  takes^its  load.  Another  team  and  scraper  then  follows 
and  is  loaded  in  the  same  way.  This  continues  until  the  end 
of  the  pit  is  reached.  The  "eSble  is  then  pulled  back  to  the  far 
end  of  the  pit  by  the  Isist  scraper  loaded,  while  the  scraper  is  on 
its  way  to  the  dump.  The  two  cables;  are  operated  by  one  man 
at  the  engine,  and  sometimes  both  cables  are  used  at  one  time. 

The  scraper  consists  of  a  scoop  of  29'cu.  ft.  capacity,  suspended 
on  a  four-wheel  steel  wagon  frame. 

A  record  of  the  work  done  during  the  month  of  July,  1912,  ia 
given  below.  The  length  of  the  haul  varied  from  200  ft.  to  as 
much  as  1,200  ft.,  the  average  being  400  or  500  ft. 

With  210  hr.  of  foreman  time,  788  hr.  common  labor,  and 
1,794  hr.  of  team  and  driver,  the  output  was  6,686  loads. 

These  data  give  the  folltowing  units  of  output: 

6,686  loads  at  29  cu.  ft.  equal,  cu.  yd 5,386 

Average  cu,  yd.  per  team  hr 3 

Average  cu.  yd.  per  scraper  hr 3.92 

Average  cu.  yd.  per  scraper  per  day  35.3 

Average  cu.  yd.  per  day 256.5 

It  will  be  noted  that  two  teams  are  required  for  plowing  on  this 
work,  and  as  many  as  four  teams  were  used  in  very  hard 
places.  In  the  figures,  however,  the  number  of  scrapers  at 
work  may  be  considered  as  two  less  than  the  number  of,  teams. 

Figuring  the  foreman  at  $3  per  day,  the  laborers  at  $2.25,  the 
driver  and  team  at  $5,  the  cost  of  the  work  may  be  estimated 
as  follows: 

Per  day 

1  foreman    $3.00 

'  1  dunipman    ;.. 2.25 

2  pitmen     4.50 

-  ^1  engin<eman    >.  j 2.75 

9  teams  and  men  and  7  scrapers 45.00 

Total  labor  per  day , , : $57.50 

Cost  of  labor  for  255  cu.  yd.  (output  of  7  scrapers) 

per  cu.  yd. ;...... $0,226 

It  should  be  remembered  that  the  material  is  hauled  about 
500  ft.  on  the  average  and  that  it  was  very  hard  to  dig..   When 
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the  top  soil  was  removed,  the  contractor  estimated  that  the 
cost  was  only  about  1 0  ct.  In  the  toj)  soil  work  the  digging  was 
very  easy  and  the  haul  was  short. 
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Fig.  10.     Sketch  Showing  Manner  of  Loading  Scrapers  Using' 
Hoisting  Engine  and  Cable: 

Basement  EzcaTation  by  Power  Scraper.  Engineering  Record 
Aug.  8,  1914j  gives  the  following:  Excavating  the  basement  for 
the  new  office  building  of   the  Occidental   Realty   Company,   in 
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Fig.   11.     Arrangement  of  Caliles  and  Plant  for  Scraper^Bticket 
Basement  Excavation.  ■ 


the  business  center  of  Indianapolis,  was  carried  out  by  using  a 
power  scraper"  which  handled  12,G00  cu.  yd.  of  gravel  in  18  days 
from  an  area  of-  70  x  200  ft.     As  installed  the  equipment  consisted 
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of  a,  Sauerman  %-yd.  scraper  with  pull  and  tail  ropes,  a  three- 
drum,  75-hp.  Thomas  electric  hoist,  receiving  hopper,  two  Link- 
Belt  bucket  elevators  and  two , loading  bins  located  as  shown  in 
the   drawing. 

As  operated  in  this  excavation  a  head-and-tail  block  served  as 
a  guide  for*  the  tail  cable  leading  from  the  rear  drum  of  the 
hoist  to  the  rear  of  the  excavator.  The  pull  cable  led  from  the 
front  driim  through  a  head  guide  block '  to  the  front  of  the 
bucket. 

Forty-two  teams  were  employed  to  haul  the  material  away. 
Labor  and  other  expenses  amounted  approximately  to  $20  per 
day,  the  output  being  nearly  700  cu.  yd.  per  day. 

Diagline  Scrapers  on  Chicago  Canal.  On  the  Calumet-Sag 
channel  of  the  Chicago  drainage  canal  several  drag-linfe  machines 
were  employed.  On  Sec.  2,  in  glacial  drift  during  1912,  a  Bucy- 
rus  dragline  machine,  equipped  with  an  85-ft.  boom  and  with 
2.5-yd.  Page  and  Bucyrus  buckets,  averaged  about  50,000  cu.  yd. 
per  month,  working  one  shift  of  10  hr.  The  average  force  em- 
ployed waa  10  men.'  On  Sec.  4,  a  Marion  self-propelling  drag- 
line excavator,  with  a  100-ft.  boom,  and  a  3.5-yd.  bucket  for 
glacial  drift  and  a  6-yd.  bucket  for  peat  and  light  material, 
excavated  an  average  of  60,000  cu.  yd.  per  month,  working  two 
10-hr.  shifts  daily.  The  average  force  employed  was  12  men 
per  shift.  , ,    ,  • 

Armstrong  Dragline  in  Montana.  Engineering  and  Contract- 
ing, Sept.  2,  1908,  gives  the  following:  This  machine  consists 
of  an  upper  platform  rotated  upon  a  lower  frame.  The  frame 
is  supported  on  skids  and  travels  over  rollers.  A  long  boom  and 
the  power  plant  are  carried  on  the  upper  platform.  The  scraper 
bucket  of  1.5  cu.  yd.  capacity  is  pulled  toward  the  machine.  The 
machine  travels  under  its  own  power  away  from  the.  cut.  These 
machines  are  made  of  vrood  or  of  steel.  The  machinery  and  iron 
work  of  the  frame  cost  $4,500,  and  the  lumber  and  erection  labor 
aboul;  $1,000  more;   a  steel  machine  complete  costs  about  $9,000. 

The  working  weight  is  45  to  50  tons,  and  the  maximum  capa- 
city varies  from  50  to  100  cu.  yd.  per  hr. 

The  cost  of  operating  a  machine  of  this  type,  with  a  48  by  96-in. 
vertical  boiler,  an  8  by  12-in.  hoisting  engine,  and  a  5  by  8-in. 
swinging  engine  during  October,  1908,  on  the  Huntley  Reclama- 
tion Project,  Montana,  is  given  in  Table  I.  A  2.5-eu.  yd.  bucket' 
was  generally  used.  The  cut  was  16  to  19.5  ft.  deep,  12  to  15  ft. 
consisting  of  well  compacted  sandy  soil,  and  the  remainder  of 
coarse  gravel  and  sand  saturated  with  water.  The  work  during 
the  month  was  difficult,  the  machine  handling  about  70%  of 
its  normal  output.     Two  8-hr.  shifts  were  worked. 
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TABLE   I.    COST  OF  EXCAVATION  WITH  ARMSTRONG  DRAGLINE 
EXCAVATOR 

Working    Repair        Lost  Total 

'                                time          time            time  time 

Superintendent   @   $125   $  41.67       $    6.26       $    8.33  $  56  26 

2,  dipper  men  @  $130  171.17           30.33           34.67  236 17 

2  dipper  tenders  @  $95  125.08           22.17           25.33  172.58 

2  firemen    @    $85 111.92           19.83           22.67  154.42 

2  groundmen    @.    $100   131.67           23.34           26.67  181.68 

Team  and  driver  hauling  supplies  @  $4       43.50            2.50  46  00 

Laborers    @    $2    21.75            1.25  23.00 


Total  labor  cost,  16,000  eu.  yd $646.76       $105.68       $117.67       $870.11 

Labor  cost  per  cu.  yd $4.04           $0.67  $0.74           $5.45 

Supplies : 

60  tons  coal  at  $2.25    $136.00 

10  gal.  . kerosene  at  22  ct 2.20 

25  gal.  gasoline  at  25  ct 6.25 

10  lb.  grease  at  9  ct 0.90 

10  1b.  graphite  at  25  ct 2.50 

20  gal.  engine  oil  at  31  ct 6.20 

25  gal.  cvl.  oil  at  44.5  ct 11.13 


Total  at  1.03  ct.  per  cu.  yd.  lor  supplies  $164.18 

Total  cost  per  cu.  yd $6.48 

Walkinir  Traction  for  a  Dragline  Excavator.  John  W.  Page, 
in  Engineering  and  Contracting,  July  19,  1911,  gives  the  follow- 
ing: The  excavator  (Fig.  12)  is  mounted  upon  a  turntable, 
which  in  turn  is  mounted  oh  a  platform  cdnsisting  of  I-beams. 
This  platform  is  about  twice  as  long  as  the  turntable  platform 
is  wide.  The  turntable  platform  is  arranged  to  roll  upon  it  from 
one  end  to  the  other.  The  whole  is  supported  on  two  "  boats  " 
or  wooden  skids.  In  moving,  the  machine  is  run  to  one  endof 
the  beam  platform,  thus  removing  the  weight  of  the  machine 
from  the  "  boat "  at  the  opposite  end.  This  "  boat "  is  then 
slipped  ahead,  by  means  of  cables  operated  by  the  main  engine. 
Then  the  machine  is  run  to  the  opposite  end  of  the  beam  plat- 
form and  the  opposite  "  boat "  is  slipped  forward.  The  opera- 
tion gives  the  machine  a  zigzag  walking  motion,  advancing  it 
about  7%  ft.  each  time. 

A  Caterpillar  Traction  Dragline  Excavator.  A  machine  made 
by  the  Stockton  Iron  Works,  Stockton,  Cal.,  is  described  in  En- 
gineering Record;  Dec.' 12,  1914,  by  W.  W.  Patch.  It  is  equipped 
with  both  a  clam-shell  and  a  dragline  bucket,  and  weighs  with 
either  bucket  about  20  tons.  Its  power  is  derived  from  a  20-hp. 
heavy-duty  upright  gasolene  engine,  operated  with  distillate. 
When  traveling  along  the  road  in  high  gear  the  machine  makes 
about  %  mi.  per  hr.  Under  these  conditions  the  jack  arms  are 
'  removed  and  are  carried  upon  the  deck,  thus  giving  a  maximum 
width  of  15  ft.  6  in.     At  the  intersections  of  60-ft.  roads  turns 
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of  90°  can  be  made  readily.  As, the  distance  between  the  two 
axles  is  over  19  fi"  there  ar,e  seldom  any  highway  strmger  bridges 
which  are  subjected  to  a  span  load  exceeding  about  12  tons.  The 
form   of  bucket  bail' is   similar  to   that  used   in  the   Page  drag 

scraper. 

Both  clarn-shell  and  dragline  buckets  were  provided,  but  the 
dragline  bucket  was  used  almost  exiclusively. 


l^ig.  12.     Walking  Attachment  for  Dragline  Excavator. 

When  operating  under  the  most  favorable  conditions  this  ma- 
chine;  with  a  crew  of  four  men,  has  excavated  400  cu.  yjd.  in  a 
day  of  8  hr.  While  for  a  period  of  seven  months  (Apr.  to  Oct:, 
19l3)  the  average  performaiicehas  been  at  the  rate  of  40  cu.  yd. 
per  hr.,  even  when  time  lost  on  account  of  repairs  and  moving- 
froni  'place  to  place  is  included.  This  work  was  in  southern- 
Oregon.     If  blasting  is  required,  or  if  the  ground  is  so  soft  as 
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to  require  planking  beneath  the  wheels  of  the  machine,  then  the 
crew  is  increased  to  a  total  of  six  men.  A  detailed  statement  of 
the  cost  of  operating  the  machine  for  a  continuous  period  of 
seven  months  during  this  second  season  is  given  belovir.  This 
statement  contains  a  liberal  allowance  of  $1,194  for  depreciation 
of  the  plant.     The  total  cost  was  $6,655  for  56,000  cu.  yd. 

"  Cost  per 

cu.  yd. 

Labor,  men    ?00«6 

Labor,    horses    '• JJ^™ 

Explosives     ™|° 

Fuel,    gasoline    005^ 

Supplies  (grease,  oil,  lumber,  etc.)   W94 

Depreciation,    machine    0213 

General  expenses    •,-        *nn?Q 

Miscellaneous    X^i? 

Repairs ""^l 

Total  per  cu.  yd J0.1188 

The  work  comprised  deepening  an  old  ditch  which  carried 
drainage  water  constantly.  The  old  section  was  about  2  ft. 
deep,  4  ft.  wide,  and  had  1.5  to  1  side  slopes.  The  new  section 
was  5  ft.  deep,  5  ft.  wide  at  the  bottom  and  had  1.5  to  1'  side 
slopes.  The  ditch  was  about  4  miles  long,  and  for  approximately 
one-half  of  its  length  the  bottom  2  ft.  was  in  indurated  materials 
which  required  blasting  before  it  could  be  excavated. 

The  crew  comprised  from  4  to  6  men  and  2  hprses  at  the 
following  wages:  Machine  operator,  $130  per  month;  gas-engine 
man,  $80  per  month;  powder-man,  $3  per  day;  2  laborers,  each 
$2.48  per  day;  2  horses,  each  $1.25  per  day.  A  day's  work  com- 
prised 8  hr.  on  the  job. 

Jacobs  Guided-Llne  Excavator.  In  the  use  of  the  ordinary 
drag-line  bucket  excavator,  difficulty  is  often  experienced  in 
guiding  the  bucket  when  stiff  material  is  encountered.  This  diffi- 
culty is  especially  noticeable  when  the  bucket,  in  cutting  the 
sloping  banks  of  an  open  ditch,  passes  from  stiff  to  loose  ma- 
terial. Recently  an  excavator  has  been  put  upon  the  market 
designed  to  overcome  this  difficulty.  This  new  machine  is  the 
Jacobs  Guided-Drag-Line-Bucket-Excavator,  manufactured  by  the 
Jacobs  Engineering  Co.,  of  Ottawa,  111. 

This  excavator  consists  of  a  steel-framed  platform  made  up  of 
standard  structural  steel  shapes,  which  are  joined  with  fitting 
bolts.  This  upper  platform  revolves  on  a  circular  track,  which 
rests  on  a  lower  steel-framed  platform.  The  machinery  consists 
of  a  three-drum  hoist  with  steel  gearing  and  the  whole  mounted 
on  a  heavy  cast-iron  base,  which  is  bolted  to  the  upper  platform. 
The    machine   swinging   drums    are    operated   by    a    double-cone 
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friction  and  are  connected'  to  the  dirum  shaft  'of  the.  hoisting  en- 
gine by  a  sprocket  and  bushed  chain.  -  ■ 
I  The  distinctive  feature  of  the  machine  is  the  guide  boom,  which 
consists  of  a  steel  girder  sliaped  like  a  figure  J,  with  the  Jiook 
end  hanging  Vertically  from  a  straight  boom.  ,; Both  booms  are 
pivoted  at  the  front  end  of  the  upper  platform.  The  bucket, 
which  is  a  rectangular  steel  box,  open  at  the  end  toward  the 
machine,  is  attached  to  a  trolley  which  travels  on  the  guide 
ooom,  having  two  double-flanged  wheels  riding  on  the  upper  flange 
and  a,  third  wheel  bearing  a,gainst  the  lower  flange  to  keep  the 
bucket  from  kicking  upward.  In  making  the  cut,  the  bucket  is 
hauled  inward  by  a  cable  leading  directly  from  the  trolley  to  the 
engine.  'For  dumping,  it  is  hauled  outward  by  the  baick-haul 
cable,  which  leads  from  the  trolley  to  the  head  of  the  main 
boom  and  back  to  the  engine.  The  bucket' is  dumped  Ijy  con- 
tinuing its  travel  to  the,  vertical  end  of  the  guide  boom,  the 
boom  being  first  swung  around  to  the  position  at  which  the  load 
is  to  be  deposited. 

■  The  machine  is  self-propelling  and  travels  on  a  track,  which  is 
made  in  sections  and  is  moved  by  the  machine  itself. 

This  machine  has  been  used  for  the  construction  of  open  ditches, 
tile  ditches'  and  back  filling  same,  levees,  roads  and  highways, 
etc.  ' 

This  excavator  is  built  in  various  sizes,  from  one  having  a 
%-yd.  bucket, and  25-ft.  boom  to  one  with  a  1%-yd.  bucket  and  a 
40-ft.  boom.  The  cost  of  the  machines  varies  from  $3,500  to 
$6,000,  depending  on  the  length  of  the  boom  and  the  capacity  of 
the  bucket.  '  - 

At  Dixon,  Illinois,  one  of  these  machines  constructed  an  open 
drainage  ditch,  having~a  22-ft.  bottom,  a  depth  varying  from  4  ft. 
to  6  ft.  and  Y^  to  1  side  slopes.  The  machine  used  had  a  40-ft.  . 
boom,  a  1%-yd.  bucket  and  was  operated  by  a  7-in.  x  10-in.  double 
cylinder,  3-drum  hoisting  engine,  with  swinging  drums  sprocket 
driven  from  the  front  drum  of  the  hoisting  engine.  The  weight 
of  the  machine  was  about  23  tons,  which  included  one  ton  of  coal 
and  300  gal.  of  ■water.  The  average  excavation  for  a  10-hr. 
day  was  600  cu.  yd.  at  the  following  cost: 

Operator    %  4.00 

Fireman     2.50 

Trackman     2.00 

Coal    600 

Oil  and  waste    1.00 

Water     ■• 100 

'■'  '      "      .'"     '  fl5.50   ' 

Interest,  depreciation  and  repairs  10.00 

Total  per  day  i $25.50 
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For  600  cu.  yd.  this  makes  a  cost  of  4.25  ct.  per  ou.  yd. 

The  material  excavated  was  4-ft.  of  gumbo  and  the  substratum 
yellow  clay.  The  yardage  averaged  150  cu.  yd.^  per  station  of 
100  ft.  ■ 

The  labor  employed  consisted  Of  an  operator  at  $125  per  month, 
a  fireman  at  $2  per  day,  two  trackmen  at  $1.75  per  day,  and  a 
cook  at  $40  per  month.  The  men  were  furnished  with  free  board 
and  lodging.  Fbllowing  is  a  tabulated  list  of  expenses  for  10.5 
days.-  . 

Labor $117.62 

Coal     .: 20.60 

Coal  hauling  25.00 

Repairs' ,8.45 

Camp '  supplies  ' 9.72 

Cook's"  wages    ; 16.06 

Traveling  and  livery  32.55 

Insurance     .......;..;.; 7.14 

Miscellaneous    .....'.:.......... ■. '. 7.14  >  . 

Total,  10.5  days  at  $22.30 J234.28 

^  Coal  was  hauled  8 -miles  from  a  railroad  siding,  at  a  cost  of 
8  ct.  per  hundred -weight  and  part  of  the  time  at  a  cost  of,  $5 
per  load.  The  item  of  "  camp  supplies"  does  not  include  some 
supplies  used,  which  were  on  hand  and  not, purchased,  during  the 
month.  "  Traveling  and  livery  "  include  a  special  trip  to  inspect 
work  and  attend  commissioners'  meeting.  The  output  averaged 
220  cu.  yd.  per  day  at  a  cost  of  10  ct.  per  cu.  yd.. 

The  foregoing  data  are  from  "Excavating  Machinery 'V  by 
A.  B.  McDaniel.  - 

A  Locomotive  Crane  Used  as  a  Drag^line  Excavator.  Engineer- 
ing and  Centraoting,  May  10,  1911,  gives  data. on  the  u^  of  a 
locomotive  crane  on  the.  New  York  State  Barge'  Canal.  This 
crane  was  bought  to  use  for  concreting,  and  while  waiting,  for 
concreting  to  begin  was  rigged  as  a  dragline  excavator.  It  dug 
a  channel  60  ft.  wide  on  top,  and  20  wide  on  the  bottom,  with  an 
average  depth  of  cut  of  9  to  10.5  ft.  and  a  length  of  2,600  ft. 

The  crane  began  on  April  14  and,:in  the  12  working  days  of  the 
month,  excavated  afcout  6,000  cu.  yd.,  according  to  the  state 
engineers'  estimate.  There  were  two  crews  employed,  each  ,workr 
ing  8  hr.,  and  comprised  as  follows: 

1  eugineman  at  $100  per  month. 
1  iireman  at  $50  per  month, 
4  laborers  at  $1.60  per  day; 

The;  average  cost  of  moving  dirt  has  beien  about  9^  ct.  per 
cu.  yd. 
The  crane  is  a  standard  Brownhoist  crane  with  50  ft.  of  boom 
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built, to  handle  3  tons  at  a  48  ft.  radius,  -wltlj  12,000  lb.  of  ballast 
in  the  buck  frame.    ■ 

Dredging  Gravel  with  a  Weeks'  Bucket.  Engineering  and 
Contracting,  Feb.  5,  1913,  gives  the  following.  (See  also  Apr. 
26,  1911.)  Gravel  for  building  purposes  for  the  city  of  Van- 
couver, B.  C,  is  obtained  in  part  from  submerged  deposits,  one 
of  which  lies  at  the  mouth  of  Indian  River  at  the  head  of  the 
North  Arm  of  Burrard  Inlet.  To  obtain  the  gravel  from'  this 
place  Over  which  the  tidal  range  is  about  12  ft.,  a  Weeks  patented 
bucket  has  been  used  -in  various  ways  since  the  spring  of  1910. 


fng.&Cafttg 


■■■^■!.^".T^'\i.-^\:'-'^- 


Fig.    14.     Gravel  Dredging   and   Washing   Scow   Equipped    with 
Weeks  two  Line  Bucket. 


First  Plant.  The  first  method  of  operating  the  bucket  \yas  from 
a  skid  A.fra.me  •  mounting  a  swinging  boom,  on  a  scow.  The 
bucket  with  its  load  is  lifted  and  swung  over  the  scow  to  be 
emptied  and  returned  to  its  loading  place  by  means  of  a  %-in. 
back-haul  line  passing  from  the  hoisting  engine  over  a  sheave  sup- 
ported by  a  float  suitably  anchored.  The  bucket  has  a  capacity 
of  24  cu.  ft.,  and  35  cu.  yd.  of  gravel  per  hr.  is  loaded  when  the 
distance  the  bucket  transports  its  load  is  not  over  200  ft. 

It-  may  be  noted  here  that  th^  tendency  with  this  shovel  wher- 
ever installed  has  been  to  make  it  a  transporter  of  material  as 
well  as  an  excavator,  with  the  inevitable  result  of  reduced  capa- 
city and  increased  wear. 

The  operating  crew  consists  of  a  foreman,  engine  runner,  fire- 
man and  laborer,  the  principal  duty  of  the  latter  being  to  spring 
the  latch  on  the  bucket  which  causes  it  to  dump  its  load. 

An  8%x;10-irt.  double  drum' hoisting  engine  burning  .  13^  tons 
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of  coal  per  10-hr.  day,  when  working  steadily,  supplies  the  power. 
Through  the  top  of  the  A-frame,  a  heavy  link  passes,  at  the  rear 
end  of  which  the  backsta;ys  are  fastened;  and  from  the  front'end 
the  boom  hangs  by  means  of  a  special  shackle,  the  pin  of  which 
is  enclosed  by  a  couple  of  wearing  sleeves.  These  sleeves  are 
made  of. pipe  and  take  the  wear  due  to  the  swing  of  the  boom. 
If  kept  well  greased  this  wear  is  very  small.  At  the  point  of 
the  boom  is  a  three-armed  forging,  the  arms  of  which  are  set  at 
equal  angles.  To  the  top  arm  is  fastened  the  boom  line  of 
fixed  length,  and  to  one  of  the  lower  arms  is  hung  a  sheave  for 
the  %-in.  main  line  to  the  bucket.  At  the  base  of  this  boom  is 
bolted  a  heavy  bent  plate,  the  long  end  of  which  fastens  to  the 
boom.  The  short  end  pivots  between  two  angles  riveted  to  a 
heavy  plate  which  is  bolted  to  the  bottom  of  the  A-frame.  When 
.  the  load  comes  upon  the  end  of  the  boom,  its  tendency,  by  reason 
of  the  eccentrically  suspended  I6ad,  is  to  swing  toward  the  side 
on  which  the  main  line  sheave  is  hung,  and  this  tendency  is  in- 
creased as-  the  scow  tips.  A  fair  leader  for  the  main  line,  hung 
in  the  A-frame,  prevents  this  tendeUTiy  from  being  excessive. 
With  this  arrangement  of  boom  and  tackle,  no  swinging  gear  is 
necessary.  The  sweep  of  the  loaded  bucket  over  the  scow  is  regu- 
lated to  a  nicety  by  the  engine  runner  paying  out  the  back  haul. 
The  daily  cost  of  operating  is  as  follows: 

1  foreman $  4.75 

1  engine  runner 4.50 

1  fireman     3.00 

1  laborer    , 2.75 

l'£  tons  coal  at  $8  • 12.()0 

Wear  and' tear,  depreciation',   etc 3.00 

300  cu.  yd.  at  10  ct $30.00 

Second  Plant.  Later  a  larger,  but  in  every  way  similar,  dredge 
was  installed,  and  the  original  rig  mounted  for  a  time  on  pile 
bents  instead  of  a  scow;  The-  object  of  this  change  was  to 
facilitate  washing  and  storing  the  gravel,  which  was  done  with  a 
special  type  of  washer,  and  the  washed  gravel  elevated  into 
bunkters.  Owing  to  a  desire  to  reclaim  all  the  gravel  possible 
from  the  fixed  location  of  the  dredge,  the  distance  which  the 
bucket  hauled  its  load  was  mad^  nearly  300  ft.,  which  was  too 
great  to  attain  a  large  output.  The  depth  of  the  pit  to  which 
dredging  was  carried  was  about  60  ft.  below  low  tide.  From 
225  to  240  trips  of  the  1%-cu.  yd.  bucket  was  all  that  could  be 
averaged  in  10  hr.  Considerable  time  was  lost,  due  to  clog^ng 
of  the  washer  by  over-feeding.  About  40  cu.  yd.  could  be  dredged 
per  hr.,  washer  permitting.  The  same  crew  was  used  as  on  the 
floating  dredge,  but  the  daily  consumption  of  coal  was  greater  by 
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half  a  ton.  The  cost  per  cu.  yd.  was  9  ct.,  including  all  expenses. 
Improved  Plant.  Wishing  to  reduce  the  length  of  haul,  with 
its  attendant  wear  and  diminished  output,  a  new  method  of  oper- 
ating has  been  devised,  so  that  now  the  bucket  digs  under  the 
scow  (Fig.  14)  upon  which  the  washer  also  is  mounted.  An  in- 
clined trolley  track  projects  beyond  the;  front  of  the  scow  upon 
which  runs  a  trolley  car  carrying  a  large  sheave  over  which  passes 
the  main-haul  lines.    The  trolley  is  locked  at  the  lower  limit  of  its 
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Fig.  16.     Page  Scraper  Bucket. 

run  while  the  bucket  is  digging,  and  is  unlocked  by  the  bucket 
striking  the  releasing  levers.  Upon  being  unlocked,  the  trolley 
runs  up  the  inclined  track,  the  bucket  being  hung  meanwhile 
from  the  trolley  car  by  two  hooks  upon  which  it  adjusts  itself 
automatically  and  which  prevent  it  from  lowering  or  twisting. 
Arrived  at  the  upper  limit  f  of  its  travel,  the  bucket  dumps  into 
a  hopper,  whence  the  grave?  is  conveyed  by  a  belt  to  the  washer. 
The  bucket  and  trolley  are  -then  lowered  to  the  bottom  of  the 
incline,  and  the  bucket  retiirned  to  its  loading  position  by  the 
back  haul  which  passes  over  sheaves  at  the  back  of  the  dredge. 
Springs   in  tension  absorb   the   shoik  of  the  descending  trolle,' 
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car.  The  scow  is  held  by  adjustable  anchor  lines  passing  over 
the  front  corners  and  the  middle  of  the  stern. 

The  bucket  now  in  use  holds  1%  cu.  yd.  and  averages  50  sec. 
per  trip.  Owing  to  a  lack  of  sufficient  scows  for  loading;  no 
positive  statement  of  its  daily  capacity, ''can  be  made  at  this 
time,  but  it  is  known  to  be  much  faster  than  either  of  the  other 
methods  of  operating.;  At  present,  the,  same  crew  as  before 
operates  the  dredge,  including  the  washer;  but  later,  when  the 
output  becomes  larger,  an  additional  man  may  be  required  to 
assist  in  spotting  scows. 

The  Weeks  bucket  is  made  by  the  Moran  Co.,  of  Seattle,  Wash. 

Dragline  Excavator  Buckets.  They  are  of  various  shapes  and 
are  arranged  either  to  tilt  forward  or  rearward  in  dumping.  The 
Page  scraper  bucket  is  ^illustrated  in  Fig.  16.  It  is  dumped  for- 
ward by  holdii^  the  hoist  line  and  ^ slackening  the  pull  line. 

PAGE  SCRAPER  BUCKETS 


'  Width  of 

List 

Capacity 

cutting  edge  . 

Weight 

prices, 

cu.  yd. 

.^        in. 

lb. 

1916 

% 

t-     36 

-  1,450!^2,200 

$   495-   575 

1 

.C     45             / 

■  1,80(1-3,500 

546-   800 

1% 

45^8      ■  -: 
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-:   48       / 
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2% 

".    B7     ';•  '■- 
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60 
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3% 

60 
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4 

60 
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4% 

66 

9,100 

1,813 

5 

66 

9,600 

1,938 

litgKmlj. 


Fig.  17.    The  Hokomb  Bucket. 


The  Monighan  2-line  drag  bucket  is  somewhat  like  the  Page 
bucket.  The  Iverson  is  similar  in  form  but  is  dumped  by  a  third 
or  latch  line.     The  Hayward  and  Wenks  buckets  are  dumped  for- 
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ward  by  pulling  on  the  tajl  or  hoi^t  line,  but  the  -  lattpr^  may  be 
dumped  backwa;i;d  by  haul^ing*  on  the  pull  line  and,  slackening 
the  tail  line. ,  The  Browning  bucket  is  dumped  by  a  third  line, 
In  all,  except  the  lyerson  and  >  Brojynjng  buckets,  the  drag  line 
must  be  held  against  thfi  lift  line  ,tO|  prevent  dumping. 

The  Sauerman  drag  line  excavators  are  .operated  by  one  pull- 
line  .and  a  s.lfck  cableway.  Thp, bucket, is  drawn  in  one  direcr 
tipn  by  the  , pull-line  and  allowed  to,  slide  in  the  other  direction 
along  the  tightened  cableTvay  under  the,  .influence  ,of  gravity. 
It  is  dumped  (either  forward  or  backward  according  to  the 
type)  by  encountering  a  stop  on  the  cableway  lin^.  The  prices  of 
these  machines  depend  upon  the  length  of ,  span,  size,  of  bucket, 
and  local  condi^jpns. ,  A  ;%-yd.  excavator  of  5d0-ft,  span  cost 
about  $2,200, in  1,916,  and  a  \%-yA  machine  about  $4,200,  in- 
cluding cables,  ,buck^tg,  hpi^.t  and  boiler,[  biit  not  anchors,  m^^st 
or  tower  ti;mbers.  .TJhe  capacities^  vary  from  10  to  8,Q  en.  yd.  per 
hr.,  depending  on  the  size  of  the  bucket,  kind  of  material,  and 
other  conditions.  With  an  average  haul  of  300  ft.,  about  35 
cu.  yd.  per  hr.  per  cu.  yd.  of  bucket  capacity  will  be  averaged. 
Aboul^  30  hp.  per  cii.yld.  of  bucket  capacity  is  required. 

The^Dunbar  Sragiline^Bmcket. .  TTiis  is  described  in  Engineering 
N.e)B&-Recovd,  J.\i\y  8,  191S.  The  bucket  will  take  a  load  in  travel- 
ing its  own  length,  and  then  can  be  hoisted  at  once  instead  of 
being -pulled.  toJ  the  bank  of  the' drag  line.  The  end  gate  holds 
the  load,  but  at  the  same  time  allows  water  to  escape.  Experi- 
ence showed  that  the  cables  lasted  longer  and  the  machine  con- 
sumed less  coal  than  when  an  ordinary  bucket  was  used. 

These  buckets  were  designed  by  H.  T.  Dunbar,  president  of  the 
D,unbar  &  Sullivan  Dredging  Co.,  Buffalo,  N.  Y.  They  were  made 
at  the,.eompany'si  machine  shops  on  the  work  at  Waterford,  N.  Y. 
They  are  of  3-yd.  capacity- 


Fig.    19.    Planking  for   Dragline   Excajvation'  Wprlj   Over   Soft 
,  ,  Ground. 

Planking  for  Dragline  Work  Over  Soft  Ground.  Engineering 
and  Contracting,  Dee.., 16,,  I914,i  gives  the  following:  The  sketch 
(Jfig.  Zp),  shows  a  inethod  of  planking  for  dragline  excavation 
work  for  drainage  ditch  near  Viro,  Ida.  The  ground  consists  lof  a 
top  layer  of  v.eg^table  fiber  on  which  a  man  can  stand  in  mos}: 
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Jiiaces,  but  which  will  iiot  carry  a  teaihl  A  6-ftr  bar  can  be 
sHoved  down  its  whble  length  with  one  hand.  On  6x6-in.  string- 
ers laid  parallel  to  the  direction  of  movement  are  laid  platforms 
of  3  X  r2-in.  X  12-ft.  planks  set  close,  and  at  the  center  of  each 
platform  is  laid  a  roller  trstck  of  three  6x  12-in.  x  14-ft.  timbers 
set  close.  These  track  tirnbers  are  staggered  to  distribute  the 
load  to  the  plaiik.  The  stringers  are  pressed  down  into  the 
ground  by  the  weight  of  the  excavator  and  apparently  so  confined 
the  material  as  to  prevent  it  from  squashing  out  sideways  under 
the  ends  of  the  planks.  The  stringers  havie  to  be  dug  out  to  be 
shifted  ahead,  but  the  planks  can  be  easily  picked  up.  Four  pit- 
men pile  the  plank  in  bundles  behind  the  machine  which,  with  a 
chain'  htjoked  to  the  bucket,  picks  up  the  bundles  and  swings 
them  ahead  for  the  pitmen  to  relay.  The  four  pitmen;  with  the 
use  of  the  machine  as  described,  pick  up  and  relay  the  strihgers, 
plaink  and  track  tiinbei's  as  fast  as  the  machine  can  work. 

Macliin'0afieuidg6hThisaireaiori'--^''^^i  ''    '  '     '  '  '    ' 
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Fig.  20;     Sectional  Platform  Tracks  for  Dragline  Excavators. 

Sectional  Track  for  Dragline  Excavator.  Another  form  of 
plank  track  is  illustrated  in  Engmeering-  and  Contracting;  Feb. 
17,  1915.  The  section  is  24  ft.  in  length  over  all.  Ten  of  these 
sections  are  used,  five  under  each  side  of  the  machine,  giving  a 
track  of  about  100  ft.  in"  length.  '  Each  section  consists  of  three 
5x  16-in.  X  20-ft.  stringers  laid  side  by  side,  thus  forming  a  roller 
bed  4  ft.  wide.  Under  these  are  placed  ten  6  x  8-in.  x  8-ft.  stand- 
ard railway  cross-ties,  spaced  2  ft.  apart,  as  shown  in  Fig.  20. 
Under  these  are  three  2%  x  16-in.  x  20-ft.  flooring,  planks,  to  serve 
as  a  stiffe'ner,  to  elevate  the  roller  bed  and  to  keep  the  mud  from 
forcing  itself  up  between  the  ties.  These  three  sets  of  timbers 
are  bolted  together  by  thirty  %x  13-in.  machine  bolts  with  heads 
countersunk  bdow  the  surface  of  thB  top  timbers.  Four  1-in. 
U-bolts  in  the  ties  serve  for  hooking  the  swinging  chains. 

These  sections  may  be  swung  ahead  and  placed  in' li^  min. 
eaOh.    The  machine  has  been  moved  2,600  ft.  in  10  hr. 
;  Channon   Excavator  in   Wet   Gravel  Pit.    According;  to  En- 
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gine^ring  News,  March  21,  1907,  near  Liberty,  Ce^ter,  Ind.,  a, 
3S-ton  l.S-yd.  bucket,  Channon  excavator  was,  used  for  stripping 
and  excavating  gravel  from  under  water  and  loading  it  on  stand- 
ard railroad  cars.  The  boom  was  50  ft.  long.  The  pit  was  ,25, 
to  30  ft.  deep,  15  to  -25  ft.  being  in  water.  The  overburden  was 
heavy  clay,  of  a  nature  difficult  of  plowing  by  four  horses.     A 
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Fig.  21.     Method  of  Hitching  in  Swinging  Ahead  Sectional 
Platform'  Track. 


train  of  7  cars,  each  of  26.5  cu.  yd.  capacity,  was  usually  loaded 
in  60  to  75  min.     About  40  to  60  cars  were  loaded  daily. 

Dragline  Excavator  on  Sewer  Work.  Engineering  and  Con- 
tracting, Sept.  8,  1908,  states  that  a  Page  and  Schnable  drag 
scraper  bucket  was  used  in  excavating  the  first  6  or  8  ft.  of  a 
sewer  trench  in  sand  at  Gary,  Ind.  The  bucket"  was  of  2  cu.  yd. 
capacity,  bping ',  operated  on  a  58-ft.  boom  with  the  usual  cable 
and  chain  attachments.  The  derrick  house  worked  away  from 
the  excavation.  The  machine  was  not  used  to  it§  full  capacity, 
but  excavated  about  60  ft.  of  trench  per  day,  just  enough  to  kee^ 
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ahead  of  the  other  forces  which'  were  arranged  to  complete  60 
lin.  ft.  of  sewer  per  9-hr.  day.  The  average  swing  made  i  by  the 
bucketi  was  90°,  In  turning  the  bucket  in  its  various  operatidnsj; 
it  was  found  that  the  average  time  for  each  motion  of  the  bucket 
was  as  follows:.  ' 

■i        '■:   ■       ;■     '...'U  ■■'A'l     1.         ,.  .  ;,  . 

Swinging  from  embankment   5  sec. 

Lowering  tp  trench   5  sec. 

Digging    '......'. .'..- Av.,i..'.> 15  sec. 

Hoisting  full  bucket   ......  £-.,. , , .:. 5  sec. 

Swinging  to  embankment  ^.. ^-'.'......^'^i..  5  sec. 

Dumping     ......;.. ..- , -  5  sec. 

Total  average, time   ....... ..i. 40  sec. 

Thus  30%   of  the  time  of  operation   is  consumed  in  digging. 

From  400  to  600  cu;  yd.  per  day,  place  measurement,  were  ex- 
cavated, the  material  being  dumped  on  the  side  of  the  trench. 
The  best  day's  work,  850  cu.  yd.,  was  accomplished  in  5  hr.  dig- 
ging  time. 

On  this  work  it^  was  .  found  that  the  bucket  dumped  better 
if  enough  water  was  kept  in  the  pit  to  make  the  material  a 
little  sloppy. 

Dragline  Excavator  Work  on  the  N.  Y.  Barge  Canal.  Bn- 
yi/neering   and  Contracting,  Mar.   23,    1910,  gives  the  following: 

The  material  moved  was  10%  mud  and  90%  hard  material. 
The  dragline  excavator  was  operated  by  three  8-hr.  shifts,  each 
shift  consisting  of:  1  operator,  1  fireman,  1  foreman  and  4  pit 
laborers.  From  March  25  to  April  14,  1909,  inclusive,  the  fol- 
lo^fing  work  was  done. 

The  machine  worked  21  days,  advanced  1,635  ft.  and  excavated 
19,725  cu.  yd.  or  940  cu.  yd.  per  24-h.r,  day.  The  best  work  was 
1,467  cu.  yd.  for  the  three  shifts  of  Apr.  2.  All  repairs  which 
could  be  postponed  were  made  during  the  shift  from  8  P.  M.  to 
4  A.  M.  Out  of  the  69  hr.  lost  time,  46  hr.  were  for  broken  shafts. 
These  were  broken  on  the  dragline  drum  and  were  chiefly i  the 
fault  of  the  operators.  The  remaining  23  hr.  lost  time  were 
because  of  cable  and  bucket  breaks. 

Dragline  Work  on  Chicago  Channel.  Engineering  and  Con- 
tracting, Aug.  4,  1909,  gives  the  following:  Section  1  of  the  . 
North  Shore  Channel  of  the  sanitary  district  of  Chicago  includes 
3,350  ft.  of  channel  excavation,  -40  ft.  wide  at  the  bottom,  80  ft, 
wide  at  the  top,  with  an  ultimate  depth  of  water  13.5  ft.  Part ' 
of  this  section  was  done  by  the  day  labor  system,  as  the  district 
owned  a  steam  shovel,  dump  car,  and  locomptive"  plant;  also 
because  by  doing  itself  certain  portions  of  the  work,  wherei  inter, 
ference   with   property   rights   was   greatest,   the    district   could 
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avoid  trouble  with  adjacent  property  owners;  and  because  a  long 
haul  was  Jiecessary,  and  all  spoil  had  to  be  removed  from  the 
right  of  way. 

The  top-soil  on  both  these  sections  was  excavated  with  team 
and  drag  scrapers.  In  this  way  47,000  eu.  yd.  were  removed 
from  Section  4,  and  21,000  cu.  yd.  were  removed  from  Section  5. 
The  balance  of  the  cut  was  made  with  Heyworth-Newman  ex- 
cavators, one  machine  working  on  each  section.  These  machines 
are  designed  afld  operated  by  Jas.  0.  Heyworth,  who  has  patented 
the  machine  and  bucket  and  is  manufacturing  them. 

These  sections  were  in  dry  excavation,  all  material  being  stiff  ' 
blue  clay.     \^'orking  continuously  on  Section  4,  from  Sept.,  1908, 
to  Dec,  1909,  one  scraper  excavated  499,000  cu.  yd.  in  16  montlis, 
or  31,191  cu.  yd.  per  month;  the  best  month  being  52,163  cu.  yd. 
in  March,  and  the  worst  being  15,517  cu.  yd.  in  December. 

On  Section  5,  during  6  months  from  May  to  October,  the  average 
output  was  nearly  30,000  cu.  yd.  per  month;  but  during  Novem- 
ber only  1,000  cu.  yd.  were  moved,  and  16,000  in  December.  Hence 
the  8-month  average  was  25,214  cu.  yd. 

An  estimate  of  the^  cost  of  labor  for  one  machine  is  as'  follows : 
No  consideration  is  taken  of  interest  on  contractors'  bond,  in^ 
surance,  or  of  ge'neral  ofBee  expense.  The  work  was  divided  into 
three  shifts  of  8  hr.  each  for  the  operators,  aiid  two  shifts  of 
12  hr.  each  for  the  balance  of  the  crew.  The  work  was  carried 
on  6  days  a  week  or  25  days  a  month.  The  figures  were  ob- 
tained by  the  editor  while  going  over  the  work  and  are  given 
according'  to  the  information  furnished  him.  He  believes,  how- 
ever, that  the  crew  given  for  ealch  machine  is  too  large.  It 
would  be  more  nearly  correct  to  eliminate  the  items  of  mechanic, 
blacksmith's  helper  and  oiler,  and  to  divide  the  blacksmith's  time 
between  three  machines.  ' 

12  laborers  at  20  ct.  per  hr.,  per  month  $   720;00 

3  0  erators   at  $150  per  moath    450.00 

2  liiemen  at  |90  per  month ' 180.00 

1  man  aiid  team  at  >r. ...  125.00 

1  superintendent  to  2  machi-nes  at,  $200  per,  month. ., .  100.00 

1  civil  engineer  and  timekeeper,  $125  — 2 'macliines.  67150 

1  mechanic,  3  machines  at  $150  ...... 50.00 

1  blacksniith,   per  month 90.00 

1  blacksmith's  helper,  per  month   : ' .  50.00 

1  6iler,  per  month   ; j.-.i 60.00 

Total  per  month $1,892.50 

■'Using  31,101  cu.  yd.  excavated  for  Section  4  and  25,214  cu.  yd. 
excavated  for  Section  5,  the  costs  per  cu.  yd.  are  estimated  as 
f611b'Ws:  '   "      '  '  ;   '  'i 
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Section  4 
; ,  Cost  per 

cu.  yd. 

Labor    -r. J0.061 

3  tons  coal-. per.  day  ■; 0.010 

Repairs  and  miscellaneous  supplies 0.048 

15%  aiiiiual  interest  on  ?15,00O  plant  0.006  '     ■ 

50%'  annual  depreciation  on  $15,000  plant  . . . '. 0.02  , 

Total  cost  per  cu.  yd $0,145 

Section  5 

Cost  per 
cu.  yd. 

Dabor $0,076 

3  tons  coal  per  day  ...., 0.012 

Repairs  and  misceUaneous  supplies   0.059 

■15%  annual  interest  on  $15,000 .plant  ■....      0.007 

,60%,  annual  depreciation  on  $15,000  plant  0.030 

Total  cost  per  cu.  yd.  ....;..... $0.1S1 

The  labor  itienl  includes  all  work  done,  such  as  repairs,  moving 
'  machine,  and  actual  excavation. 

The  repair  and  miscellaneous  supplies  item  is  large.,  It  con- 
tains new  cable,  oil,  renewals  and  2  miles  of  2-in.  pipe  to  supply 
water  to  the  boilers.  The  strains  and  work  demanded  of  large 
dragline  machines  are  heavier  than  that  of  steam  shovels.  The 
average  repair  and  maintenance  bill  has  been  $1,500  per  month, 

Dragline  Excavator  Work  at  Stockton,  Oal.  Engvneering  und 
Contracting,  July  20,  1910,  describes  work  on  a  diverting  canal 
built  to  prevent  floods  at  Stockton,  California,  The  canal  i^  5,25 
miles  long  with  a  cross-section  150  ft.  wide  on  the  bottoni,  and 
with  side  slopes  of  1  to  1%.  Two  dragline  excavators  were  used, 
one  a  Heyworth-Newman  machine  having  a  100-ft.  boom  £^nd  a 
31^-cu,  yd.  bucket.  The  second  machine  had  a  110-ft.  boom  ajid 
had  been  converted  from  clam-shell  to  dragline  rig.  It  used  a 
■2%-cu.  yd.  bucket. 

The  method  followed  in  doing  the  work  was  to  set  up  the  Hey- 
worth  excavator  7  ft.  from  the  center  line  of  the  channel  in  order 
to  control  the  excavation  of  the  outer  30  ft.  opposite  the  levee 
side.  This  allowed  the  boom  to  deposit  the  spoil  on  the  levee 
site  clear  of  the  berm.  When  about  2,000  ft.  of  progress  had 
been  made  in  this  manner,  the  machine  was  placed  in  about  31  ft. 
and  another  section  was  taken  out  up  to  7  ft.  of  the  levee  side. 
The  converted  clamshell  machine  followed,  taking  out  the  rem- 
nant. The  excavating  machines  were  all  mounted  on  rollers,  made 
of  8-ini  extra  heavy  hydraulic  pipe,  with  pine  centers  pressed  in, 
and  were  moved  forward  on  12x14  in.  timbers. 

The  organization  under  which  the  work  was  done  consisted  of 
the  following: 
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1  superiiiteiideiit. 

2  captains,  1  on  each  machine. 

3  leveemen,  6  hours  on  and  12  off. 
2  mates,  1  on_each  machine. 

4  firemen,  2  on  each  machine. 
8  deckhands. 

1  blacksmith. 
1  Jielper. 
1  cook. 

1  flunkey. 

2  pumpi^en. 

1  liandyman.  ■!• 

1  team  of  6  horses  for  hauling  oil  and  freighting. 

The.  expenditure  per  month  was  as  fbllows:  , 

Pay   roll    $3,754 

Fuel  oil   ' 945 

Lubricating  oil  and  repairs  .-. . .;. . i. . i :..       2,220 

Total $6,919 

To  this  amount  must  be.  added  the  overhead  expense,  plant 
cost  and  interest  on  the  money  invested.  The  contract  price  paid 
for  doing  the  work  was  151^  ct.  per  Cu,  yd. 

The  above  prices  paid  for  labor  included  board..  On  account 
of  the  extent  of  the  worlc,  it  was  necessary  to  have  a  camp  that 
could  readily  be  moved.  The  camp  consisted  of  two  large  tents 
which  were  used  as  sleeping  quarters  by  the  men  and  two  smaller 
tents  for  the  engineers,  superintendent  and  captains,  also  serving 
as  offices.  .  A  cook  wagon,  of  the  same  type  as  are  used_  on  the 
ranches,  was  used  both  for  doing  the  cooking  and  as  mess  tent. 
"This  outfit  proved  satisitactory  from  every  standpoint. 

From  Apr.,  1909,  to  Apr.,  1910,  inclusive,  the  Heyworth-New- 
man  machine  excavated  437,873  cu.  yd.,  and  the  converted  cla,m- 
shell  machine  242,600  cu.  yd.  The  average  monthly  output  for 
thirteen  months  with  the  HeyworthTNewman  macjiine  was  33,683 
cu.  yd.  The  converted  machine  worked  10 .  months  s^nd  had  afl 
average  output  of  24,260  cu.  yd.  Taking  the  expenses  given  \ve 
have  a  cost  of  nearly;  12  ct.,  per  cu.  yd.  without  overhea(^  expenses; 

Sr^.gline  Work  on  Iriigation  Canal.  ,  E-  H.  Mqritz  and  H.  W. 
Elder,  in' Engineering  and  Contracting,  Sept.  11,  1912,  ,give  the 
cost  of  dragline  excavator  work  on  the  enlargement  aijd,  im- 
provement of  the  Main  Canal  of  Sunnyside  Yakima ,  Project, 
Washington.  About  23  miles  of  the  canal  were  excav^lted  with  a 
Lidgerwood-Crawford  dragline  machine.  This  machine  was 
erected  in  January  and  F^ebruary,  1909,  and  bega^n  operating  at 
the  upper  end,  working  down, stream,.  A,  road  had  to  be  leveled 
ahead  of  the  machine,  and  all  material  not  niceded  was  duniped 
on  the  other  side  of  the  canal,  i  The  extra  amount  of  road  gr?id- 
ing  was  not  anticipated  in.  the  originaL  scheijlule,  and  the  ?iddi- 
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tional  work  that  had  to  be  done  to  strengthen  the  levee,  caused 
the  unit  price  to  run  higher  than  was  anticipated. 

A  great  deal  of  team  work  had  to  be  done  in  connection  with 
the  machine  excavation.  The  profile  of  the  upper  bank  was  very 
irregular,  and  it  meant  that  the  old  levee  had  to  be  almost 
destroyed.  A  roadway,  8  ft.  wide  had  to  be  built,  and  as  the 
grade  could  not  exceed  5%,  the  hills  had  to  be  cut  down  and 
the  ravines  filled  up.  Where  the  necessary  cut  on  hills  exceeded 
5  ft.  the  cut  had  to  be  20  ft.  wide  to  permit  the  car  to  swing 
and  dunip.  In  very  deep  cuts,  this  placed  the  machine  so  far 
below  the  level  of  the  natural  ground  that  it  was  very  difficult 
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Fig.   22.     Curve    Showing   Performance    of   Dragline   Excavator. 


to  dispose  of  the  material,  because  of  the  lack  of  dumping  space. 
In  some  cases  the  road  grading  Was  30%  of  the  entire  excava- 
tion in  cut,  and  as  the  inaterial  was  often  hauled  200  ft.  or  more 
to  the  fill  ahead,  the'  cost  was  high.  This  cost  was  charged 
against  the  machine,  and  the  total  cost  distributed  intq  the 
total  yardage; 

An  attempt  has  been  made  to  show  the  amount  of  material 
moved  per  hr.,  with  the  machine  operating  at  various  heights 
above  the  center  of  gravity  in  the  mass  excavated.  The  result  is 
shown  in  Fig/ 22.  As  indicated  each  point  represents  the  average 
of  a  number  of  values,  and  for  each'  value  a  reach  was  selected 
over  which  the  material  and  conditions  of  operation  were  of  an 
average  nature.  The  curve  shows  that  the  maximum  yardage 
per  hr.  was  Obtained  with  the  machine  excavating  a  mass  whose 
center  of  gravity  was  7  ft.  below  the  base  of  the  track:.    This 
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diagram   is  of  interest  as  showing  tlie  efiFect  the   depth  of  -cut 
has  on  the  cost  of  excavation. 

The  excavation  was  done  under  water  during  7  months  of 
tlie  year.  During  the  winter  months,  when  there  was  no  water 
in  the  canal,  frost  interfered  with  the  worlc  to  a  considerable 
extent.  Due  to  the  shape  of  the  section,  the  time  consumed  in 
lifting  and  cleaning  the  buckets  was  probably  considerably  greater, 
than  for  most  excavation  where  a  similar  quantity  of  material  is 
moved. 
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COST  DATA  — DRAG   LINE   EXCAVATION,   204,183   CU.   YD. 

Per 
CU.  yd. , 

Labor,    excavator    0.027 

Labor,  spoil  banks   0.031 

Fuel     0.015 

'    Plant    maintenance 0.035 

Plant   depreciation    \T. 5.008 

Total  per  cu.  yd 0.116 

Force  and  wages  —  One  crew  consisted  of  6  men  and  2  horses. 
,  Wages    paid  ' —  Engineer,    $4 ;,    fireman,    $2.85 ;    groundman,    $2 ;    man    and 
team,  $4.50. 

Miscellaneous  —  Maximum  excavation  per  8-hr.  shift,  1,170  cu.  yd. ;  maxi- 
mum excavation  for  week,  16,000  cu.  yd. ;  average  excavation  per  8-hr, 
shift,  545.5  cu.  yd. ;  average  excavation  per  actual  working  hour,  S-'!.?  cu.  yd, 

Bridge  Foundation  Excavation.  C.  H.  Johnson  states  that  the 
Nashville,  Chattanooga  and  St.  Louis  R.  R.  has  completed  abut- 
ments for  a  bridge  across  Chattanooga  Creek,  the  foundations  of 
which  called  for  the  excavation  of  40,000  cu.  yd.  of  material,  about 
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two-thirds :  of  which  was  on  tie  south' side  of  the  creek.  The 
excavation  had  to  be  taken  out  to  about  5  ft.  •  below  'the  water 
surface  and  the  maKimum  depth  of  cutting  was  42  ft.  A  Bueyrus 
dragline  with  a  working  radius  'of  70  -ft;  horizontally  and  50 
ft.  vertically  was  rented  from  a  contractor^  who  also  furnished 
the  men  to  operate  it.  The  excavation  made  for  the  two  arches 
as  originally  planned  was  refilled  by  this  machine,'  ai  half-inch 
stream  of  water  sbteing]  thrown  on  the  material  as  it' was  dumped 
from  the  bucket.  As  the-  material  was  already  wet,  parti  of  it 
coining  from  below  the"  water  surface,  this  stream  proved  sufficient 
to  make  it  flow  sq  as  tft  fill  the  entir^^exc^ivation.  The  daily 
expense  of  operating  the  machine  was  as  follows;:  .         - 

Rent  of  machine *.'. 1.  .i'T.. . „^ .. .^:  $25.00 

Foreman,- ■'.".a:?5*^..^j ,  iVr,:._... , , ,,...'.'. ■..,».,..  .•. .-.''.  4.00 

Engineman     t — -.  j.^. :..;.. ^'^: 6.00^ , 

Fireman/ ,.■..-. j,...;.....^ 3.60 

Six  laborers 10:50 

Phmper    2.00 

Watchman 3.00 

Machinist 4.00 

Coal,  repairs,  oil,  etc , 5.90 

Total  per  day   .T. ....v,., $64.06 

The  total  cost  of  excatatiug  40,000  cu.  yd.  was  $9,739,  or 
24.4  ct.  a  yd.  '  However,  about  half  the  material  had  ^o  be  handled 
twice  on  account  of  the  difficult  location  of  the  work,  and  allow- 
ing for  this  the  cost' was  16.2  ct.  per  yd.  of  material  handled. 
This  rather  high  price  for  drag  line  work  Ivas  due  to  the  fact 
that  it  was  nefcessafy  to  pull  the  old  piles  with  the  machine 
and  also  because  of  the  many  boUlders  which  were  encountered. 

Cost  of  Excavating  Drainage  Ditch  with  a  Drag  line  Exca- 
vator, Ray  S.  Owen,  in  Engineering  and  Contracting,  Mar.  11, 
1914,  gives  the  following:  The  following  is  a  statement  of  tte 
cost  of  excavating  drainage  ditches  in  Rook  County,  Wis.  Jhe 
machine  used  was  a  drag  line  dredge  with  steam  power,  running 
on  a  track  la.id  by -hand  and  propelled  by  pulling  on  a  deadman 
with  the  hoisting  drum.  The  operating  crew  consisted  of  1 
runner,  1  fireman,  2  trackmen  and  1  teamster.  ' 

The  ditches  are  in  a  hay  meadow,  the  soil  being  about  2  ft. 
of  muck  underlaid  by  sand.  The  ditches  averaged  5  ft.  deep 
with  1%  to  1  slope,,  the  main  ditch,  2,60  miles  in^  length,  having  a 
6-ft.  bottoin  with  2;i-ft.  top  and  the  lateral  1.36  mileS  in  length, 
having  a  4-ft.  bottom  with  19-ft.  top.  The  totil  excavation  com- 
puted for  the  ditch  Was  53,019  cu.  yd.  '  The  soil  Ckved  vflry 
badly  and  a  large  amount  of  excess  material  had  to  be  excavated 
to  get  the  ,  specified  prism  clear  of  dirt.  The  amount  of  dii't 
actually  moved  was  about  75,000  cu,  yd, 
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The  two  ditches  are  riot  connected  but,  empty  into  Sugar  River 
at  points  about  one-quarter  mile  apart.  This  arrangement  ne- 
cessitated a  tear  down  and  move  of  about  three  miles  from  the 
end  of  one  ditch,  after  it  was  completed,  to  the  other  ditch,  and  a 
set  up.  , 

The  costs  include  freight  on  machine  from  Madison,  Wis.,  to 
Sterling,  111,,  the  operation,  moving,  repair,  etc.,  of  the  machine 
during  the  work,  arid  the  tearing  down  and  delivery  of  the  ma- 
chine on  board  cars  at  Sterling,  which  is  about  8  miles  from 
the  job.  The  rent  of  2  ct.  a  yard  included  the  furnishing,  by  the 
owner  of  the  dredge,  of  sheaves  and  cable,  which,  was  a  large 
item  as  the  sand  wore  them  out  Very  rapidly.  The  cost'  of  coal, 
teaming  and  moving  is  rather  large,  because  of  very  bad  roads 
when  the  outfit  was  moved  oUt  in  the  spring  and  the  deep  sand 
through  which  the  coal  was  hauled  during  th6  summer.  The 
unit  prices  are  given  for  the  contract  yardage  and  for  the  actual 
yardage  of  75,000  cu.  yd. 

Per 
cu.  yd. 

Eent  of  dredge JO.OU 

Labor    0.038 

Coal     0.006 

Express  and  freight  5.002 

,     Bond  and  liability  insurance 0.002 

Livery  and   carfare 0.001 

Oil     1 0.000 

r    .       Teaming  and. moying 0.008 

Tools,   supplies,   repairs,  lumber   0.002 

Miscellaneous    . . .' 0.001 

Total  cost  per  cu.  yd '. .    $0,074 

The  total  cost  per  cu.  yd.  of  contract  yardage  was  '10.5  ct. 

This  shows  that  it  was  necessary  to  ma/ke  42%  excess  exca- 
vation with  the  drag  line  machine. 

Five  Examples  of  Cost  of  Dragline  Excavation.  D.  K'  Yarnell, 
in  Engineering  and  Contracting,  Feb.  2,  1916,  gives  the  following: 

Job  1.  A  dragline  excavator  of  the  rotary  type,  hai'ing  a  2-yd. 
scraper  bucket  and  a  60-ft.  boom,  was  used  in  the  construction 
of  drainage  ditches  in'  southern  Texas.  It  was  built  mostly,  of 
wood  and  moved  on  rollers.  Power  was  derived  from  an  80-hp. 
internal-combustion  engine,  burning  oil.  The  cost  of  the  exca- 
vator, ready  to  opera,te,  was  $12,000.  It  was  operated  about  10 
months  in  two  daily  shifts  of  10  hours  each,  a  shift  consisting 
of  10  men.  The  actual  working  time  was  not  reool'ded.  The 
ditch  ranged  from  4  to  22  ft.  in  bottom  width,  from  Z  to.  12  ft. 
In  depth,  and  had  1  to  1  side  slopes.  The  soil  varied  from  a 
stiff,  heavy  clay  to  a  fine  sandi '  The  excavation  amounted  ■  to 
230,000  cu.  yd.     The  cost  was  as  follows:  <     i 
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Operating    expenses $22,313.36 

Miscellaneous  expenses   374.70 

Interest , and  depreciation   ,..-.        4,100.00' 

Total $26,788.06 

Cost  per  cu.  yd.,  $0.1164. 

Jo})  2.  On  another  drainage  project  in  soutliern  Texas,,  a  2-yd. 
rotary  excavator  was  used.  The  machine  was  of  steel  througjiout, 
had  a  60-ft.  boom,  and  was  mounted  on  caterpillar  traction.  The 
crew  consisted  of  a  foreman,  operator,  engineman,  oiler,  and  two 
laborers.  The  machine  was  operated  by  a  llO-hp.  internal-com- 
bustion engine,  with  oil  as  fuel.  The  total  cqst-of  the  machine 
was  about  $17,500.  The  cost  of  erection  was  $509.  During  the 
four  months  oif  operation  two  10-hr.  shifts  were  run.  The  ditches 
ranged  from  4  to  22  ft.  in  bottom  width  and  from  3  to  12  ft. 
in  depth,  with  1  to  1  side  slopes  and  8-ft.  berms.  The  material 
e.^eavated  was  a  stiff,  heavy  clay.  The'  excavation  amounted  to 
91,400  cu.  yd.     The  cost  was  as  follows: 

Operating  expenses   $  8,873.82 

Miscellaneous    371.00 

'  Interest'  and  depreciation   , . . .        2,391.00 

Total     ■ $11,635.82 

Cost  per  cu.  yd.,  $0.1273. 

Job  3.  In  the  same  general  locality  as  the  last  example  a 
1%-yd.  rotary  dragline  excavator,  operated  by  a  50-hp.  internal- 
combustion  engine  and  mounted  on  caterpillar  traction,  was  used 
in  the  vConstruction  of  some  ditches  in  soil  ranging  frflm  stiiT, 
heavy  clay  to  fine  sand.  The  ditches  were  of  the  same  dimensions 
as  in  Job  2.  The  machine  was  rebuilt  from  an  old  dipper  dredge 
at  a  cost  of  about  $1,200.  It  was  operated  in  two  daily  shifts  of 
10  hr.  each.  The  crew  for  each  shift  consisted  of  from  five  to 
six  men.  During  the  five  months  of  operation  the  machine 
moved  59,014  cu.  yd.  at  an  expense,  exclusive  of  interest  and 
depreciation,  of  $8,921,  or  $0.1512  per  cu.  yd.' 

Job  4-  A  rotary  dragline  excavator  with  a  2l4-yd.  bucket  and 
65-ft.  boom,  mounted  on  skids  and  rollers,  was  useJ  in,  the  exca- 
vation of  222,500  cu.  yd.  in  South  Dakota.  The  power  was  ob- 
tained from  a  50-hp.  internal-combustion  engine,  using  gasoline. 
The  cost  of  tlie  machine,  complete,  was  $10,500.  The  total  time 
of  construction  was  148  working  days,  or  approximately  six 
months,  of  which  23  days  were  occupied  in  making  repairs.  Two 
shifts  of  11  hr.  each  were  run.  The  soil  was  a  loam  under- 
lain by  clay.  The  crew  and  rates  per  month  were  as  follows: 
One  superintendent,  $125;  2  cranemen,  at  $100;  4  trackmen,  at 
$50;  1  teamster,  $45;  1  cook,  $40.  The  operating  expenses  were 
as  follows: 
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GBBoline,  15,444  gallons,   at  $0,124 $1915  05 

L^JJOf  ,  i ■ ,  3,060.00 

Subsistence     ■    561 81 

,          Cables    ..'. "  978;87 

Repairs   and   renewars    845  93  , 

Miscellaneous 2,078.72 

Interest  and  depreciation   2',152!50 

Total    „ $11,592.88 

Cost  per  cu.  yd.,  $0.0521. 

Joh  5.  The  following  costs  were  secured  on  the ;  operation  of 
a  rotary  dragline  excavator  with  an  85_-ft.  boom,  2-yd.  bucket, 
and  a  50-hp..  engine.  The  work  was  done  on  the  New  York 
State  Barge  'Canal.  The  machine/  weighed  147  tons  and  cost 
$10,000.  It  excavated  earth  90  ft.  from  center  on  one  side  and 
deposited  it  100-ft.  from  center  on  the  other.  It  dug  a  channel 
25  ft.- deep  and  deposited  the  material  on  waste  bank  15  to 
25  ft.  high.  The  material  was'  a  stiff  clay,  with  few  stumps  or 
boulders.  The  following  is  a  condensed  coat  record  for  .five 
months'  work : 

Total  Yards 

for  month  excavated 

April $1,088.21  5.205' 

May     ..r.: 1,041.53  18,365 

June 1,152.04  25,333 

July     1,317.61  33,055 

August 1,535.36  47,363 

Average  cost  per  yd.  for  5  months,  including  all  charges,  $0,047. 
In  May,  items  of  cost  were  as  follows; 

Engineman,  at  $90  per  month   , $     90.00 

-Engineman,  at  $95  per. month  84.04 

Fireman,  pumpmen,  watchmen,  etc.,  at  $1.75  per'  day         363.00 

Coal,  at  $3  per  ton 147.00 

Kepairs,  including  labor  and  material  1^.82 

Interest  and  depreciation   -....'. '    -.341.67 

Total  for  May $1,041.63 

Large    Electric   Dragline   Excavators.     Engineering   and,   Con- 
tracting, Jan.  22,  1913,  gives  information  as  to  Lidgerwood-Craw-' , 
ford  machines   built   for,  use   on   the   Calumet    Siag   Channel,    in 
Chicago.     The  machines  weigh  120  tons  each,  and  operate . 2^cu. 
yd.  Page  buckets,  on  100-ft.  steel  booms. 

The  arrangement  of  the  operating  machinery  is  shown  in  Fig. 
24.  The  double  drum  hoist  is  operated  directly  by  a  gear  on 
the  shaft  of  a  112-hp.,  60-cycle,  3-phaae  motor,  making  690  r.p.m. 
A  52-hp.,  60-cycle,  3-phase  motor,  855  r.p.m.,  operates  the  bevel 
swing  gear  as  shown.  The  air  brakes  are  operated  through 
power  furnished  by  a  25-eu.  ft.  motor-driven  air  compressor. 
The  current  is  furnished  by  a  public  service  company  and  is 
brought  from  Blue  Island,  several  miles  away,  over  a  high 
tension  line  at  33,000  volts  to  a  transformer  house  on  the  work 
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where  the  Voltage  is  stepped  down  to  2,300  volts..  It  is  again 
stepped  down  to  440  volts  through  a  portable  transforiner  which 
is  attached  to  the  dragline  machine  by  a  cable  and  is  pulled 
along  on  its  trucks  as  the  machine  moves  ahead.  On  the  machine 
the  rcurrent  is  stepped  down  to  110  volts  for  the  incandescent 
lamps  and  to  35  volts  for  the  searchlight  which  is,  placed  on 
the  front  of. the  house  and  jyst  under  the  boom.,, 

The  machine  is  operated  by  two  men  on  board  and  two  men 
outside  for  handling  the  track.  While  moving  to,  position  for 
commencing  work  one  of  the  'machines  was  moved  ,410  ft.  in  one 
day. 

Electric  Draglines  on  the  Sun  River  Irrigation  Canal.  Owing 
to  the  distance  of  this  work  from  the  nearest  railroad  and  diffi- 
culty of  hauling  over  poor  roads,  electric  power  was  adopted 
for  all  machinery.  Engineering  Record,  Jan.  29,  1916,  giyes  a 
description  of  the  work. 

Current  was  obtained  from  the  Great  Falls  Power  Co.'s  plant 
at  Rainbow  Falls,  75  miles  away.  It  was  transmitted  at  48,600 
volts  over  wires  strung  on  45-ft.  cedar  poles  with  a  span  length 
of  about  350  ft.  Each  conductor  was  three-strand  copper, wire, 
carried  by  suspension  insulators  on  wood  cross,  arms.  A  fourth 
stranded  pteel  cable  was  grounded  at  each  pole  to  Jielp  keep  the 
line  clear  of  static  disturbances. 

At  canal  miles  1,  20  and  36  power, was  delivered  to  substations 
of  700  to  1,600  kva.  capacity,  where  the  voltage  was  reduced,  from 
48,600  to  1,6,500  for  distribution  along  the  canal.  The  distribu- 
tion line  was  on  30-ft.  fir-  or  cedar  poles  with  span  lengths  of 
150  ft.  The  circuit  was  three  copper  wires  with  pin-type  in- 
sulators on  single  wood  cross  arms,  and  no  ground  wire  was 
used. 

Two  Bucyrus  dragline  machines  were  used  for  excavation.  The 
larger  was  Model  24  equipped  with  a  100-ft.  boom  and  an  extra 
heavy  3i^-yd.  Page  bucket.  The  smaller  machine  was  Model 
20  with  85-ft.  boom  and  2%7yd.  bucket.  '  For  transforming  the 
16,500-volt  line  current  down  to  the  voltage  required  by  the  mo- 
tors, two  sets  of  transformers  were  required.  One  set,  stepping 
from  16,500  to  2,200  volts,  was  mounted  on  heavy  trucks  and 
hauled  along  by:  teams  as  the  work  proceeds.  Connection  was 
made  to  the  16,500-volt  line  at  some  convenient  point  and  cur- 
rent transmitted  at  2,200  volts  through  a  triple-conductor,  steel- 
armored  cable  to  the  second  set  of  transformers.  These  were 
mounted  uhder  the  floor  on  the  frame  of  the  machine,  and  step 
the  current  down  to  the  440  volts  required  by  the  motors.  The 
steel  cable  was  about  1,000  ft.  long  and  obviated  the  necessity 
of  moving  the  high-tension  connnection  when  the  line  was  alive, 
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as  the  machine  could  move  along  1,500  ft.  or  more  without 
moving  the  transformers. 

Roads  for  Sidehill  Work.  It  was  expected  that  the  handling 
of  the  machines  on  sidehill  slopes  as  steep  as  21^:1  would  be  slow 
and  probably  dangerous.  Whenever  sidehilla  were  encountered 
the  machines  were  used  to  excavate  and  level  ahead  of  themselves 
a  road  from  30  to  35  ft.  wide,  on  which  the  timber  track  was 
laid.  '  This  advance  grading  was  at,  such  elevation  as  would  pro- 
duce the'  most  efficient  work  of  the  bii'cket  and  still  keep  the  track 
excavation  within  t}ie  lines  of  the 'completed  canal,  thereby  ren- 
dering unnecessary  any  non-productive  excavation  by  the  ma- 
chines. At,  several  points  on  the  canal  the  upper  cuts  were  as 
great  as  90'  ft.  By  excavating  the  grade'  of  the  track  50  ft. 
above  canal  grade,  however,  the  upper  part  of  the  slope  was 
excavated  without  double  handling  of  the  material.  The  engi- 
neers state  that  the  machines  far  exceeded-  the  expectations  of  the 
contractors  in  their  ability  to  dig  down  on  a  1%:1  slope  and  Idad 
the  biicket  to  CElpacity. 

The  nlaterial  excavated  varied  from  a  gravelly  loam  to  cemented 
graVel,  glacial  drift  and  sandstone,  and  the  topography  from  a 
level  prairie  to  a  steep,  rocky  hilMde  with  transverse  slopes  of 
21,^:1.  In  the  heaviest  material  blasting  was  resorted  to,  but  in 
several  instances  the  machines  have  dug  8  or  10  ft.  of  seamy  sand- 
stone without  the  use  of  explosives.  About  1,500,000  cu.  yd. 
of  excavation  has  been  handled  by  these  two  machines  in  two 
seasons,  and  costs  are  given  here  for  some  of  the  work,  showing 
the  nature  of  the  material  handled  and  the  working  conditions. 

Power  consumption  has  varied  from  0.8  to  3.0  kw.-hr.  per  cu. 
yd.  of  material  moved,  depending  on  the  nature  of  the  material. 
No  attempt  was  made  to  obtain  record-breaking  outputs  for  the 
machines,"  as  it  was  realized  that  with  frequent  moves,  rough 
topography  and  the  condition  imposed  of  placing  the  material  so 
as  to  produce  a  watertight  bank,  outputs  would  not  be  compar- 
able with  those  of  machines  working  in  a  large  pit  and  wasting 
the  material  or  loading  it  into  cars.  Outputs  of  1,450  cu.  yd. 
per  8-hr.  sliift  and  32,000  cu.  yd.  per  shift  per  month  have, 
however,  been  obtained  under  the  above  conditions.  The  crew 
required  to  operate  a  machine  for  one  shift  has  been  one  operator 
at  frdm  $175  to  $200  a  month,  one  oiler  at  $2.50  a  day,  four  track- 
men at  from  $2  to  $2.50  a  day  and  one  team  to  move  track 
timbers,  etc.  Electrical  work  for  all  shifts  has  been  performed 
by  an  electrician  or  electrical  foreman  who  received  from  $150 
to  $175  a  month. 

Interest  on  investment  includes  all  charges  for  insurance,  bond 
premium  and  interest  on  cash  capital  required.     Preparatory  ex- 
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pense  includes  all  charges  for  the  delivery  and  installation  of 
plant  and  accessories.  Plant  depreciation  includes  all  charges  for 
repairs  and  depreciation  of  tools  and  iriachinefy.  Under  the 
classification  adopted  for  eicavation,  class  1  includes  all  ma-^ 
terial  that  can  be  ployved  to  a  depth  of  6  in.  with  six  animals 
of  1,400  lb.  or  over,  and  boulders  of  less  than  2  cu.  ft.;  class  2 
Includes  indurated  material  that  cannot  be  plowed  to  a  depth  of 
6  in.  with  six  animals,  but  after  being  loosened  can  be  exca- 
vated by  teams  and  scrapers,  and  also  boulders  from  2  to  10  cu.  ft. 
in  size;  class  3  is  rock  in  place  not  included  in  classes  1  and  2, 

TABLE    I.    EXCAVATION    COSTS    IN    CENTS    PER    YARD    WITH 
MODEL  24  ELECTRIC  DRAGLINE  VALUED  AT  $36,326 

Class;  1,  Class  2,  Class  3, 

333,689  23,319  39,045 

! ,                                                                     CU.  yd.  cu.  yd.  cu.  yd. 

In^eres^  on  investment    0.81,  1.21           2.25 

Preparatory    enpense    1.33  1.99           3.t3 

Plant  depreciation    3.63  5.41  10.12 

Executive    0.89  1.24'          3.09 

Labor    5.98  7.85      '  21.03 

Electric   power 0.73  1.03           1.82 

Supplies    1.13  1.67           6.72 

Miscellaneous 0.16  0.15           0.29 

Total     14.66         20.65         49.05 

TABLE   II.    EXCAVATION   COSTS.  IN   CENTS   PER   YARD  -VSriTH 
MODEL   20  ELECTRIC   DRAGLINE    VALUED    AT   $20,957 

,     ,                                     .  Class  1,  Class  A  -  Class  3, 

410,747  4,180  9,546 

cu.  yd.  cu.  yd.  cu.  yd. 

Interest  on  investment   0.44  0.76  1.61 

Preparatory  expense  1.1*  1-20  2.52 

Plant  depreciation   1.86  3.22  6.79 

Executive     0.71  1.31  3.14 

Labor < 3.70  8,22  15.77 

Electric    power    '. 0.78  1.78  2,80 

Supplies 1.29  1.53  7.S0 

.     Total    '9.90         18.02         40.13 

Costs  for  the  Model  24  dragline  are  for  the  construction  of  2 
miles  of  canal  on  heavy  sidehill  and  %  mile  of  canal  entirely  in 
cut.  The  sections  excavated  were  from  12  to  22  ft.  in  bottom 
width  with  side  slopes  of  1:1  and  1%:1.  Costs  include  the  hand 
trimming  of  9,000  ft.  of  the'  canal  for  placing  concrete  lining. 
,  Costs  for  the  Model  20  dragline  are  for  5  miles  of  canal  with 
22Tft.  bottom,  and  4  miles  of  canal  with  27-ft.  bottom.  Side 
slopes  in  both  cases  are  11,^:1.  The  topography  was  rough,  rolling 
foothill  country,  with  the  surface  covered  with  large  boulders. 
About  25%  of  the  canal  was  wet  in  the  bottom  froni  springs. 
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Steam  and  Electric  Draglines  on  N.  Y.  Barge  Canal.    Work 

done  on  Contract  42,  New  York  State  Barge  C'ana,!,  was,  partly 
done  by  dragjine, excavators.  According  to  Engineering  and  Con- 
tracting, Sept.  28,  1910,  the-maite^ial  haijdled  consistefi,:largely  of 
black ;  gumbo,  near  Utica. 

The  following-  data  show,  the  costs  of  excayation  per  cubic 
yard  for  the  month, of  April,  1910.  These  cost^,  include  labor, 
repairs  and  distribution  of  field ,  ofliqe  expenses.: 

Hey  worth-Newman  Excavator,  100-ft.  Bodm;  2^  Yd.  Bucket: 

1  operator $       4.00 

1  foreman    '         2.00 

5  lab,orers    7.50 

1,  foreman,    average  $85   per   month    2.8^ 

1  pumpman    1.50 

1  piler    ..,, 2.00 

1  team  1  shift  a  day  4.50 

Total  cu.  yd.  for,  April  23,192 

Total  cost  for  April  $1,983.84 

Total  cost  ter  cu.  yd $     0.085 

Hydraulic  Dredge  "Mohawk,"  12-in,  suction: 

.  1  captain,  per  month  $    150.00 

3  enginemen,  per  month 75.00 

3  levermen,  per  month   110.00 

1  mate,   per  month    120.00 

6  deckhands,  per  day  2.00 

3  firemen,    per   day ,,,2.00 

8  laborers  or  pipemen,  per  day '' '  l.BO 

Total  cu.  yd.  excavated  : 15,557 

Total  cost ., $1,726.30 

Cost  per  cu.  yd.   : :.,.,..,.'..,'.;.'..'.. .yUi.  J.; $  '  lO.lU:' . - 

Two  Lidgerwood  Excavators,   Electrically  Operated,  with  25  hp.  Motor  for 

Swinging  and  125  hp.  Motor  for  Hoist;  2%  Yd.  Page  Bucket: 

1  operator,  per  day  $       4.00 

1  oiler,  per  day  ., 2.00 

5  laborers,  per  day  , ;.',...; a' 1.50 

1  sloper,    per   day    2.25 

1  foreman,   $85   per  month    : 2.83 

1  electrician,  $125  per  month  4.17 

T?otal  cu.  yd.  excavated  Machine  J^o.  1  2,271 

Total  cost    $1,667.80 

Cost  per  cu.  yd.  ' $     0.735 

Total  cu.  yd.  excavated  by  Machine  No.  2. 2,583 

Total  cost $   992.30 

Cost  per  cu.  yd $     0.384 

, ,  The  two  Lidgerwood  machines  worked  only  part  of  the  time 
during  this  month,  No.  1  working  13  days  and  No.  2  working 
10  days  during  the,  month.  Both  were  engaged  in  moviiig  to  new 
positions  and  were  working  at  a  disadvantage.  The  yardage  for 
these  machines  should  be  about  the  same  as  for  a  Heyworth'^ 
Newman  machine  under  similar  conditions.  The  difference  in 
daily  pay  roll  is,  however,  in  favor  of  the  electrically  driven  ma- 
chine. 
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The  electric  power  on  these  machines  costs  about  1  ct.  per 
cu.  yd.  City  current  is  used  and  a  transformer  is  placed  at  con- 
venient points  along  the  line,  as  the  machine  moves  ahead. 

The  repairs  on  the  Heyworth  machine  have  averaged,  approx- 
imately, $400  per  month.  The  highest  amount  charged  to  repairs 
for  any  one  month  is  $667; 

Another  machine  used  on  this  work  was  a  cableway  with  drag- 
line bucket.  It  consists  of  a  movable  tower,  located  on  one  side 
of  the  canal  witli^a  cable  running  from  it  to  an  anchorage  on  the 
opposite  side  of  the  canal.  The  drag  bucket  isxSupported  by  and 
slides  np  and  down  this  cable.  It  is  pulled  back- and  forth  by  an 
endless  line.     The  crew  and  costs  are  as  follows: 

1  operator,   per   dpy    $       4.00 

1  tireman,  $75  per  month,  per  day  2.50 

1  foreman  or  supt.,''$200.per  month,  per  day 6.67 

1  pumpman,  per  day   1.50 

6  laborers,  per  day   ' 1.50 

Total  cu.  yd.  excavated   15,065 

Total  cost    , $1,455.81 

Cost  per  cu.  yd.   .^ $     0.096 

This  tower  is  85  ft.  high  and  operates  a  1%-cu.  yd.  bucket  with, 
a  10  X  12-in.  hoisting  engine  and  40-hp.  iboiler.  This  machine  is 
becoming  quite  popular  along  the  canal  because  of  its  adaptability 
and  its  moderate  cost. 

Steam  and  Electric  Draglines  on  Ditch  Work.  F.  N.  Cronkolm, 
in  Engineering  Record,  Dec.  26,  1914,  gives  the  following:  The 
operation  of  steam  and  electric  dragline  excavators  and  an  elec- 
trically-driven suction  dredge  are  described  and  costs  of  excava- 
tion given  for  the  Mlndoka  Reclamation  Project,  Idaho. 

Five  excavators  were  in  seryiee  on  the  project.  Two 'steam 
dragline  machines  were  started  in  1910  and  1911.  A  small  suc- 
tion dredge  was  started  in  the  spring  of  1013  and  two  electric 
dragline  excavators  were  started  in  Sept.,  1913. 

Steam  Machines.  The  steam  dragline  macb-ines  were  of  the 
ordinary  standard  type  and  were  built  on  the  project.'  They 
have  revolving  frames,  rope-swing,  1-yd.  bucket  and  a  reach  from 
the  center  bearing  to  the  end  of  the  boom  of  58  ft.  The  machine 
was  mounted  on  rollers  supported  on  planks.  The  approximate 
cost  of  the  machine  was  $5,000. 

The  suction  dredge  was  also  built  on  the  project.  It  consisted 
of  a  boiler  and  an  engine  direct-connected  to  an  8-in.  centrifugal 
sand  pump,  mounted  op  a  10  x  30-f t.  scow,  The  40-ft.  discharge 
pipe  was  counterbalanced  by  a  weight  suspended  from  a  pole  on 
tHe  opposite  side  of  the  boat.  The  material  was  discharged  back 
of  a  levee  built  along  the  line  of  the  proposed"  construction.     The 
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end  of  the  suction  pipe  was  kept  on  the  center  line  of  the  drain, 
for  by  digging  from  1  to  11^  ft.  below  grade  the  sandy  spilg  slojigh 
in  to  approximate  1%:1  slopes  and  have  the  required  bottom 
width.  The  machine  was  moved  forward  or  backward  and  held 
in  position  by  means  of  light  cable  controlled  by  drums  operiited 
by  hand.  The  total  cost  of  the  machine  was  approximately 
$2,500. 

Electric  Machines.  The  two  electric  dragline  outfits  were  Model 
9%  Bueyrus  machines,  of  the  most  modern  type,  having  gear 
swing  and  caterpillar  traction.  The  total  reach  of' the  machine 
when  the  boom  is  in  digging  position-  is  54  ft.  The  bucket  is  of 
114-cu.  yd.  capacity,  made  by  the  Page  Engineering  Company., 
i  It  is  like  the  buckets  used  on  the  steam  machines  except  that  it 
has  a  chain  in  place  of  a  stiff  bail. 

The  caterpillar  feature  was  a  decided  advantage  as  compared 
to  rollers  and  greased,  skids.  The  data  secured  since  the  ma- 
chines started  show  a  saving  of  5%  of  the  digging  time,  besides 
eliminating  the  services  of  at  least  one  man.  The  desirable 
features  of  the  caterpillar  are  that  the  machine  can  be  propelled 
in  either  direction,  will  go  over  very  soft  or  rough  ground,  and 
may  be  turned  in'  the  length  of  the  machine.  The  cost  of  each 
machine  complete  was  approximately  $13,800. 

Cost  of  Excavation.  The  cost  of  moving  675,000  cu.  yd.  with 
the  two  steam  machines  averaged  13.22  ct.  This  cost  was  for 
work  done  on  two  different  drains.  Although  each  machine  moved 
about  the  same  amount  of  material,!  they  worked  under  entirely 
different  conditions,  resulting  in  an  average  for  one  machine  of 
11.06  ct.,  and  the  other  15.13  ct.  The  detailed  cost  of  the  average 
yardage  for  the  two  machines  per  cubic  yard  of  cross-section 
■yardage  is  showA  in  Table  1. 

TABLE  I.    UNIT  COSTS  WITH  THE  TWO  STEAM  MACHINES 

Labor  excavation $0.0434 

Hauling  and  pumping  water 0.0123 

I            Hauling  and  handling  coal  0.0066 

Coal,  including  freight  0.0252 

Repairs,   labor 0.0017 

Repairs,  material  7  0.0051 

"    Cables     0.0034 

Carbide    0.0013 

Miscellaneous   supplies    0.0049 

Depreciation   in  machinery    0.0111 

Engineering  and  administration   (15%)    0.0172 

Total  per  cu.  yd $0.1322 

In  order  to  compare  the  cost  of ,  the  steam  and  electrically  oper- 
ated machines,  the  lower  cost,  or  11.06  ct.,  will  be  used.  The  de- 
tails are  presented  in  Table  2. 
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TABLE   II,    LOWER   UNIT   COST  FOR   STEAM  MACHINES 

Labor  excavation   '......... $0.0360 

Hauling  and  pumping  water , . .  0.0102 

Hauling  and  handling  coal  0.0048 

Coal,  including  freight  0.0212 

Repairs  labor i 0^0015r 

Repairs   material    0.0037 

Cables 0.0027 

Carbide i 0.0010     , 

Miscellaneous   supplies    0.0040 

Depreciation  on  machinery   , 0.0112 

Engineering  and  administration   (15%)    0.0143 

Total  per  cu'.  yd J0.1106 

The  average  cost  for  the  first  two  months'  operation  of  the  two 
electric  machines  was  7.1  ct.  Even  though  the  operators  were  in- 
experienced at  first  with  this  type  of  machine,  and  the  condi- 
tions were  slightly  more  difficult,  a  saving  of  36%  has  resulted, 
the  comparison  being  made  on  the  total  cost,  which  includes  de- 
preciation and  engineering  and  administration.  Aside  from  engi- 
neering and  administration  and  depreciation,  a  comparison  of 
the  costs  shows  a  saving  of  56%  in  favor  Of  the  electric  machines. 
The  details  are  shown  in  Table  3. 

TABLE  III.  UNIT  COSTS  FOE  TWO  ELECTRIC  MACHINES 

Labor    excavation    $0.0204 

Electricity,  at  1  ct.  per  kw 0.0045 

Repairs,  labor 0.0001 

Repairs,  material  . . .' 0.0004 

Steel  rope    0.0011 

Transmission  line,  at  6  ct.  per  ft 0.0078 

Miscellaneous   supplies    0.0035 

Depreciation  on  machinery   \ 0-0240 

Engineering  and  administration   (15%)    0.0092 

Total  per  cu.  yd $0.0710 

Table  4  shows  a  comparison  of  the  detailed  cost  in  a  condensed 
form.  ' 

TABLE   IV.    COMPARISON  OP  COSTS  TOR   STEAM  AND  ELECTRIC 
MACHINES 

Steam'  ,  Electric 

machine  machinte  Saving 

Labor     $0,036  $0.0204  $0.0156 

Power        ;   0.0372.,  O.0123»    '  0.0249 

Miscellaneous   0.0119  0.0051  0.0068 

Depreciation     0.0112  0.0240  

Engineering 0.0143  0.0092  

■  Totals     $0.1106  $0.0710  $0.0483 

Depreciation  and  engineering  and  administration  are  based  on 
costs  and  yardages.     Further,  the  steam  machine  has  depreciation 
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figured  at  1  ct.  per  cu.  yd.  and  the  electric  at  2  ct.,  and,  therefore, 
these  items  cannot  be  compared  on  the  two  machines. 

The  average  amount  of  electric  power  per  cubic  yard  of  cross- 
sectiori  yardage  has  been  0.45  kw.  since  the  two  machines  started. 
The  average  amoimt  of  coal  per  cubic  yard  of  actual  yardage  was 
7.4  lb.,  or  8.1  lb',  for  the  cross-section  yardage.  When  working 
under  exceptionally  good  conditions  in  easy  digging  the  pounds 
of  coal  per  cubic  yard  should  not  exceed  four;  yet,  this  depends 
largely  on  the  size  of  the  boiler.  Before  the  boilers  on  the  steam 
machines  were  replaced  with  others  of  35%  greater  capacity,  the 
average  amount  of  coal  per  cubic  yard  was  10  lb.  From  this 
will  be  seen  at  a  glance  the  importance  of  large  boiler  capacity. 

Transmission  Line  and  Suotioni  Dredge,  The  cost  for  electric 
line  constructioij  was  $875  a  mile.  .        :  ,         ,  , 

The  detailed  costs  on  the  suction  dredge  per  cubic  yard  of 
cross-section  yardags  on  100,000  cu.  yd.  to  Nov.,  1913,  are  given 
in  Table  5. 

TABLE  V.    UNIT  COSTS  FOE  SUCTION  DREDGE 

Labor  excavation  .' .' $0.0567 

Hauling  and  handling  coal  0.0040 

,  Coal,  including  freight  . . . , 0.0161 

liepairs,   labor   ...*...: ^ 0.0027' 

Repairs,  material  0.0030  . 

Cables 0.0004 

Carbide .-. : , 0.0007 

Leyee  Construction   ..■..'." • 0.0086 

Miscellaneous   supplies ". .■ ■. . ..'. 0.0062 

Depreciatioil  on  machinery  .... 0.0200 

Engineerin'g  and  administration    : 0.0178 

Total  pe*  cu.  yd. .....j.... J0.1362 

In  addition  to  keeping, detail  cost  per  cubic  yard  of  the  diiferent 
machines,  a  record  is  also  kept  of  machine  efficiency,  which  shows 
the  piercentage  of  'digging  time  and  various  delays,;  such  as  moving, 
repairs,  coating,  etc.  The  actual  yardage,  as  well  as  the  cross- 
section  yardage,  is  also  computed  in  order  to  determine  the  per- 
centage of  excess  yardage;  and  in  this  way  hold  the  operators 
nearer  the  required  section. 

Cost  of  Stripping  Coal  Beds  with  Electric  Dragline.  Engineer- 
ing and  Contracting,  June  19,  1918,  gives  the  following: 

Electrically-driven  dragline  excavators  were  used  for  stripping 
coal  beds  for  the  Locust  Mountain  Coal  Co.  at  Shenandoah,  Pa. 

The  stripping  is  done  from  14  to  30  ft.  deep.  The  rock  en- 
countered in  the  stripping  process  is  drilled  by  steam  drills  and 
shot.  In  one  position  with  this  dragline  it  is  possible  to  take  a 
-cut  of  150  ft.  wide.  The  excavator  is  placed  directly  over  the 
vein  and  is  followed  by  a  steam  or  electric  shovel.  ; 
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With '  electric  control  of  a  dragline  no  fireman  is  needed,  no 
coal  passer  and  no  pipeman.  Further,  there  as  no  water  pipe  to 
freeze  up  and  on  the  coldest  mornings  no  delay  is  necessary  to 
start  thfe  stripping  operation,  it  being  merely  necessary  to  close 
the  main  line  switch  and  start  operation.  The  only  labor  which 
is  required  for  the  operation  of  this  machine  is  the  dragline  op- 
erator, an  oiler  and  a  few  men  in  the  pit. 

The  dragline  excavator  has  a  24-ft.  diameter  turntable,  a  150-hp. 
hoist  motor  and  a  75-hp.  swing  motor.  The  turntable  consists  of 
40  open-hearth  steel  rollers  revolving  between  two  90-lb.  rail  cir- 
cles, 24  ft.  in  diameter,  one  attached  to  the  bottom  of  the  revolv- 
ing frame  and  one  to  the  top  of  the  base. 

The  main  machinery  is  driven  by  a  direct-geared  150-hp.  440- 
volt  Westinghouse  slip  ring  type  motor,  operating  at  a  speed  of 
565  r.p.m.  and  includes  two  drums,  one  of  which  winds  the  rope 
by  means  of  which  the  bucket  is  dragged  through  the  dirt  and 
the  other  operates  the  rope  by  means  of  which  the  bucket  is 
hoisted.  There  is  also  a  small  drum  for  the  purpose  of  manip- 
ulating the  rope  by^  means  of  which  the  boom  is  lowered-  and 
raised. 

The  swinging  machinery  is  operated  by  a  75-hp.,  440-volt  slip 
ring  motor,  driving  a  vertical  swinging  shaft  by  means  of  three 
gear  reductions.  A  pinion  on  the  vertical  shaft  engages  the 
swinging  rack  on  the  base.  The  bucket  used  had  a  capacity  of 
3^  cu.  yd.  , 

Below  is  given  the  cost  of  stripping  256,710  cu.  yd.  during  the 
year-of  1915.  It  will  be  noted  that  the  net  cost  is  4.23  ct.  per 
cubic  "yard. 

Classification  Labor  Material    ^ 

Excavator   crew    $1,463.50  $     82.26 

Pitmen 1,697.80  B.16 

Blasters    107.02  1,804.22 

Bepair  and  maintenance    317.08  1,274.89 

Electric  repairs  and  maintenance  ...  318.64  16.24 

Transmission  lines 74.56  7.60 

Power     2,038.26 

Foreman     339.16  2.25 

aerlc 40.50 

Hauling     36.73 

Miscellaneous    1,664.13  13.00 

Total    $6,059.12  $5,243.88 

Credit    to    labor    account    for    other 

work 427.25 

Net  cost  of  labor $5,631.87 

Materials     5,243.88 

Total  net  cost   $10,875.75 

Net  cost  per  cu.  yd $0,042 

Cost  of  power  per  cu.  yd $0,008 
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CHAPTER  XV 
METHODS. AND  COST  OF  DREDGING 

Dredges.  The  term  ''  dredge  "  is  loosely  applied.  In  this  book 
it  will  be  taken  to  include  only  machines  that  float  and  are  used 
for  excavating  under  water.  Of  these  there  are  four  principal 
types,  ( 1 )  The  bucket  or  grapple  dredge  consisting  of  a  crane 
mounted  on  a  barge  and  equipped  with  a  grab-bucket  ( orange- 
peel  or  clam-shell),  or  more  rarely  with  a  acraper  bucket.  (2) 
The  dipper  or  steam  shovel  dredge,  a  floating  steam  shovel  evolved 
from  the  original  spoon  dredge.  (3)  The  elevator  or  ladder 
dredge,  which  is  fitted  with  a  bucket  conveyor.  This  type  is 
called  bucket  dredge  by  the  English.  (4)  The  hydraulic  or  suc- 
tion dredge  which  excavates  material  by  pumping. 

Dredges  may  also  be  classified  by  references  to  the  limitations 
under  which  they  work,  as  for  instance  sea-going  dreiges,  deep-, 
water  dredges,  canal-dredges,  etc. 

"  Land  Dredges  "  are  discussed  in  Chap.  XVIL 

Dredges  may  place  the  material  they  excavate  directly  on  the 
bank,  or  load  it  into  scow&,  or  they  may  be  provided  with  hop- 
pers and  carry  their  material  to  sea.  The  sea-going  hopper 
dredge,  used  in  large  harbors  where  the  water  is  too  rough  for 
scows,  is  usually  of  the  gadder  type,  but  suction  dredges  are  also 
used  for  this  purpose. 

The  hulls  of  dredges  were  formerly  constructed  of  wood,  but  the 
use  of  steel  for  this  purpose  is  gradually  increasing. 

Capacities  of  Dredges.  The  comparative  capacity  of  dredges 
of  various  types  depends  upon  many  factors,  such  as  the  size  and 
model  of  the  dredge,  the  method  of  operating/  it,  the  character 
of  the  material  to  be  excavated,  the  method  of  disposal  and  the 
many  local  conditions  that  may  affect  any  one  piece  of  work.  It 
is  therefore  impossible  to  sta]te  with  precision  -the  output  of  a 
given  type  of  dredge  unless  the  conditioning  factors  are  known. 
Mr.  Charles  Evan  Fowler,  in  his  book  "  Subaqueous  Foundations," 
gives  the  capacity  of  dredges  of  various  types.  Table  I.  He  states 
that  this  table  has  been  compiled  as  a  matter  of  judgment  from 
experience  gained  through  many  years  of  construction  and  the 
operation  of  all  kinds  of  dredges.  The  distances  for  towing  the 
material  and  discharging  it-  ashore '  are  :  approximate.  The  ca- 
pacity is  that  of  a  24-hr.  operation  with  2  shifts. 

Cost  of  Dredge  Construction.:  The  cost  of  constructing  a  dredge 
in  California  is  given  by:  Robert  E,  Cranston  in  a  paper  published 
in  the  Journal  of  the  Ameriocm  Society  of  Mechanical  Engineers 
for  February,  1912.  The  following  is  an  abstract  of  this  paper 
appearing  in  Engineering  and  Contracting,  Mar.  13,  1912; 
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For  all  tlie  maehinei'y,  including  motors,  pumps,  wire  rope,  elec- 
trical supplies,  etc.,  12^^  ct.  per  lb.  delivered  on  the  ground;,  for 
installing,  4J,^  ct.  per  lb.,  or  a  total  of  17  ct.  per  lb.  for  the  ma- 
chinery installed.  The  lumber  costs  about  $30  per  1,000  ft.  B.  M. 
at  Portland,  and  this,  together  with  freight,  bolts,  nails,  hog  rods, 
steel  plates,  oakum,  paint,  etc.,  will  make  the  hull  material  cost 
about  $50  per  1,000  ft.  of  lumber  used;  labor  of  building  costs 
about  $40  per  1,000  ft.,  giving  $90  per  1,000  ft.  as  a  total  cost  of 
the  completed  hull.  In  addition  the  direct  costs  chargeable  to 
hull  or  machinery,  insurance,  traveling,  superintendence,  camp 
equipment,  temporary  buildings,  shop,  derrick,  ofHce  expense,  de- 
sign, etc.,  amount  to  between  $10,000  and  $25,000,  depending  on 
whether  new  designs  have  to  be  gotten  out,  what  construction 
tools  and  equipment  are  on  hand,  the  size  of  the  dredge,  and 
situation  of  the  ground  on  which  it  is  to  be  built.  For  a  com- 
plete dredge,  $180  per  ton;  on  a  basis  of  its  displacement,  is  a 
fair  average. 

Selecting  a  Dredge.  Engineering  Recdrd,  Dec.  16,  1916,  prints 
ah  article  by  Arthur  M.  Shaw,  which  is  here  given. 

In  approaching  a  dredging  job  of  any  magnitude  the  first  and 
most  important  problem  which '  confronts  the  contractor  is  the 
selection  of  the  most  suitable  equipment.  The  best  guide  in  the 
selection  of  equipment  is  found  in  records  of  past  performances, 
though  it  should  be  kept  in  mind  that  good  results  have  been 
secured  in  individual  instances  by  nearly  every  type  of  machine 
now  being  sold.  Certain  well-developed  types  of  dredges  will 
work  economically  under  a  considerable  range  of  conditions,  but 
there  is  no  one  machine  which  is  best  suited  to  all,  or  even  to 
most  conditions. 

This,  discussion  of  various  types  of  equipment  and  the  power 
plants  used  to  operate  them  is  confined  principally  to  those  used 
in  the  reclamation  of  lands  in  the  lower  Mississippi  delta.  The 
types  considered  are  dipper  dredges,  orange-peel  and  clam-shell 
dredges,  hydraulic  dredges  and  drag-line  dredges^ 

Dipper  Dredges,  Dipper  dredges  may  be  mounted  on  scows  or 
may  be  operated  on  land.  In  the  latter  case  they  are  supported 
on  car  wheels,  with  short  sections  of  portable  track,  on  broad- 
tread  wheels  for  rvinning  on  planks  or  on  hard  ground,  on  rollers 
for  moving  on  planks,  or  on  caterpillar  treads,  of  are  rigged  as 
"walking  dredges."  Wherever  it  is  practicable  to  secure  suffi- 
cient water  the  floating  dredge  is  usually  preferred,  as  the  ex- 
pense and  delays  incident  to  moving  ahead  as  the  work  progresses 
are  reduced  to  a  minimum  with  this  type.  On  isolated  work, 
requiring  frequent  tearing  down  and  rebuilding  of  a  floater,  the 
land_  outfit  is  preferred. 
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Tearing  down  and  rebuilding  a  floating  dredge  is  a  tedious  and 
expensive  operation.  The  salvage  from  an  ordinary  wooden  hull 
is  usually  a  negligible  (and  frequently  a  minus)  quantity.  Some 
of  the  iiew  types  of  ■  steel  hulls,  built  in  sections,  have  met  these 
objections  in  an  ingenious  manner  and  should  materially  increase 
the  field  of  operations  of  floating  dredges:  In  a  number  of  eases 
moderately  large  dredges  have  been  moved  intact  over  consider- 
able distances  across  land,  but  the-  veriter  has  yet  to  learn  of 
any  individual  owner  who  has  made  such  an  experiment  and  who 
is  ready  to  attempt  it  a  second  time. 

Vertical  and  Bank  Spuds  Compared.  The  greatest  variation 
in  the  details  of  floating  dipper  dredges  is  found  in  the  types 
of  spuds  used,  in  the  manner  of  raising  and  lowering  the  spuds 
and  in  "  pinniiig  up."  Th?re  are  two  general  types  ifl  common 
use — ^  the  vertical "  and  the  bank  spuds.  Vertical  spuds  are  com- 
paratively simple,  are  adaptable  to  a,  wide  range  of  depth  and 
are  independent  of  the  width  of  canal.  They  are  usually  raised 
and  lowered  by  independent  engines,  either  by  means  of  cables  or 
by  compound  gears  engaging  a  heavy  raclc  which  is  attached  to 
the  spud.  '  Cables  are  now  quite-  generally  preferred,  though  the 
rack  is  still  in  common  use  and  is  preferred  by  some.  Neither 
type  has  any  marked  advantage  in  the  matter  of  simplicity.  The 
cable  system  has  one  considerable,  advantage  in  that  it  permits 
setting  the  engines  farther  aft,  where  they  can  be  more  easily 
attended  to  by  those  having  the  care  of  the,  main  engines. 

The  power  for  raising  spuds  on  some  dredges  is  compounded 
by  means  of  worm  gears,  but  the  writer  considers  a  worm  gear 
a  necessary  evil,  to  be  tolerated  on  some  machines  but  never  on 
a  dredge.  , ;  i , 

Bank  spuds  give  greater  stability  to  the  hull,  being,  as  their 
name  implies,  set  out  on  the  berm  or  bank.  They  permit,  the  use 
of  a  much  longer  boom  on  a  dredge  of  given  width  than  is  pos- 
sible by  the  use  of  vertical  spuds.  On  some  machines  the  bank 
spuds  act  as  an  outboard  support,  the  strain  being  carried  to  the 
hull  by  a  well-braced  structure  acting  as  a  beam.  In  other  oases 
the  .strain  is  transferred  direct  to  the  top  of  the  A-frame.  That 
portion  of  the  spud  which  rests  on  the  bank  is  in  the  form  of  a 
plank  platform;  and  for  work  in  soft  material  these  platforms  are 
extended  so  as  to  cover  a  considerable  area.  In  some  cases  these 
platforms  are  hinged  along  the  center  so  that  they  may  be  more 
easily, raised  out  of  sticky  material.  One  of  the  principal  objec^ 
tions  to  bank  spuds  is  that  they  often  crush  down  the  berm, 
inducing  slides  in  the  levee  or  waste  bank.  It  is  impracticable 
to  use  bank  spuds  in  wide  canals  or  open  water  of  any  consider- 
able depth. 
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Owing  to  the  powerful  thrust  of  the  dipper  acting  in  various 
directions,  the  rigid  bracing  of  spuds  and  fastenipg  iof  all  spud 
connections,  whether  of  the  vertical  or  bank  type,  are  most  im- 
portant. 

Dipper  Dredge  Best  for  Hard  Digging.  Comparison  with  other 
types  of  dredges  is  most  favorable  to  the  dipper  type  when,  -work- 
ing in  hard,  coinpact  material  such  as  cemented  gravel  and  ledge 
rock.  It  is  usually  preferred  for  digging  through  heavily  tim,- 
bered  country,  especially  through  trees  having  large  tap  roots. 
Its  ability  to  bring  a  tremendous  amount  of  power  to  bear  at  a 
single  point  contributes  to  its  popularity  in  heavy  timber  work. 
Whenever  possible,  however,  all  large  stumps  should  be  loosened 
and  shattered  before  the  dredge  reaches  them. 

Hard  |ravel  and  rock  should  be  blasted  ahead  of  the  dredge 
even  though  it  may  be  possible  to  make  some  progress  without 
first  loosening  the  material.  Dipper  dredges  equipped  with 
crowding  engines  on  the  boom  and  with  special  teeth  on  the 
bucket  will  make  faiir  progress  without  preliminary  blasting  in 
soft  limestone  rock  which  is  in  fairly  thin  layers.  It  will  usu- 
ally be  found  more  economical,  however,  to  do  some  preliminary 
blasting  in  all  such  iflaterial. 

Loss  of  time  frequently  occurs  in  the  use  of  a  dipper  dredge 
by  the  jamming  into  the  bucket  of  a  large  stump  or  boulder, 
though  a  skillful  operator  will  seldom  permit  this  to  occur. 

In  miicky  soils  dipper  dredges  often  disintegrate  the  material 
to  such  an  extent  that  much  of  it  is  cal"ried  in  suspension  in  the 
canal  for  several  hours,  to  be  deposited  later  in  the  bed  of.  the 
canal  and  materially  reduce  the  section.  In  the  very  soft  trem- 
bling prairies  of  southern  Louisiana  this  will  occur  to  a  certain 
extent  with  any  type  of  dredge,  but  is  most  noticeable,  with  dip- 
per and  dragline  machines,  which  require  a  long  movement  of  the 
bucket  in  filling. 

Grab-Bucket  Dredges.  Variations  in  mounting  and  methods  of 
moving  are  much  the  same  with  grab-bucket  dredges  as  with  the 
dipper  type.  Spuds  are  usually  cable-operated.  The  spuds  are 
used  as  anchors  only,  since  there  is  less  necessity  for  pinning 
up  a  dredge  with  this  class  of  machinery.  For  levee  construction 
and  other  classes  of  work  on  which  the  bulk  of  the  material-, i^ 
to  be  dumped  to  one  side  of  the  excavation,  gravity  swing  out  Hs 
are  preferred  on  account  of  their  simplicity,  low  first  cost  and 
economy  of  operati6n. 

Orange-peel  and  chamshell  buckets  are  most  efficient  in  handling 
gravel,  sand  and  soft  material,  though  boulders,  pig  iron  and 
blasted  ledge  rock  are  handled  economically  by  the  larger,  three- 
bladed  orange-peels  of  extra-heavy  construckon.     In  hard,  packed 
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sand  the  clamshell  is  most  suitable,  as  it  gathers  its  load  by  the 
scraping  action  of  the  blades.  In  hard  digging  teeth  are  placed 
on  the  edges  of  cUmshell  buckets  for  loosening;  the  materialr 
Though,  owing  to  the  large  number  of  wearing  parts,  repairs  are 
frequently  required  with  grab  buckets,  they  are  readily  made, 
usually  by  the  substitution  of  small  bushings  and  pins.  A  liberal 
supply  of  these  repair  parts  should  be  kept  in  stock.  It.  is  usu- 
ally found  most  jeconomical  to  keep  an  extra  bucket  on  hand  so 
that  at  least  one  may  be  in  perfect  condition  at  all  times. 

Orange-peel  buckets  are  preferred  to  clamshells  for  digging 
stumps,  widening  canals  and  other  work  where  it  is  necessary  for 
the  bucket  to  fill  on  irregular  surfaces  or  grab  hold  of  materials 
of  varying  density.  For  digging,  stumps  other  than  those  having 
large  tap  roots  the  orange-peel  dredge  of  large  size  is  fully  equal 
to  any  other  type.  Its  ability  to  dig  on  all  sides  of  a  stump, 
tearing  loose  each  individual  main  root,  makes  up  for  its  Jacjc 
of  the  great  lifting  and  shoving  power  of  the  dipper  dredge. 

While  not  well  adapted  to  digging  hard  sand,  the  orange-peel 
bucket  may  be  used  in  such  material  with  moderate  success  if 
properly  handled.  To  insure  economical  loading*  the,  bucket 
should  be  dropped  into  the  pit  in  a  partly  closed  position,  the 
blades  being  held  as  nearly  vertical  as  practicable.  After  drop- 
ping, the  closing  line  should  be  overhauled  slightlj'  and  released, 
repeating  this  operation  as  many  times  as  may  be  necessary  to 
load  the  bucket.  It  is  not  usually  feasible  to  secure  a  full  load 
by  this  method,  nor  is  this  desirable,  as  the  "  Ruction  "  in  such 
Inaterial  is  so  great  that  it  is  almost  impossible  to  break  loose, 
with  a  full  bucket  of  .packed^  sand. 

Though  careless  manipulation  of  dredgeg  of  any  type  when 
working  m  soft  muck  will  stir  up  the  material  in  much  the  same 
manner  as  will  a  dipper  dredge,  grab  buckets,  i£  intelligently 
handled,  will  excavate  such  material  much  better  than  any  other 
bucket  dredge.  When  working  in  material  easily  carried  in  sus- 
pension by  the  water,  the  bucket  should  not  be  perniitted  to 
bury  itself  in  the  bottom  of  the  canal,  but  should  be  held  by  the 
"  standing  line,"  so  that  it  will  load  with  only  such  material  as 
it  can  take  out  of  the  canal.  Overloading  and  consequent  drop- 
pmg  of  broken  material  back  into  the  water  is  the  cause  of  most 
of  the  loss  in  section  through  sedimentation  of  canals  dug  by 
grab  buckets.  In  cleaning  out  old  cans^ls  which  have  become 
part])'  filled  with  fine  ooze  especial  care  is  necessary  to  insure 
tight  closing  of  the  bucket.  .  In  the  tough  muck  and  Sharkey 
clay  which  are  typical  of  the  lower  Mississippi  delta  grab  buckets 
may  be  loaded  30  to  40%  beyond  their  rated  capacity  without 
^danger  of  any  considerable  portion  of  the  load  dropping  off. 
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'  Orah-Buchet  Dredge  Oould  Build  Levees.  tJntil  quite  recently 
most  of  the  river  levees  on  the  lower  Mississippi  were  built  by 
wheelbarrow  or  team  work.  These  methods  are  now  largely 
superseded  by  land  dredges  and  by  tower  and  cable  rigs,  though 
a  few  floating  dredges  are  also  used.  As  the  material  for  build- 
ing these  levees  is  taken  from  the  river  side  and  land  equipment 
cannot  be  operated  excepting  during  moderately  low  stagfes  Of  the 
river,  the  working  period  is  reduced  to  a' few  months  of  each 
yekr.  It  would  seem  as  if,  ^  by  making  a  slight  modification  in  the 
specifications  for  tJie  construction  of  these  levees,  it  would  be 
possible  to  use  floating  dredges  with  extra-long  booms  for  a  large 
portion  of  such  work.  '  ,  , 

Uydraulio  Dredges  Preferred  for  Filling  Low  Lcmd.  Hydraulic 
dredges  '  are  often  preferfed  for '  interior  canal  construction  on 
account  of  their  ability  to  spread  the  excavated  material  over  a 
wide  area,  thus  avoiding  wasteful  and  unsightly  banks.  The 
preferred  method  in  cutting  new  canals  is  to  'make  a  first  cut 
with  a  small  bucket  dredge,  dutoping  the  material  in  about  eqiial 
quantities  on  each  side,  to  form  a  barrier  which  prevents  the 
material  excatated  by  the  hydraulic  dredge  froin  flowing  back  into 
the  canal.  In  other  cases  a  small  hand-built  levee  serves  the 
same  purpose.  A  levee  or  ridge  of  sod  2  ft.  in  height  will  usually 
retain  the  discharge  from  a  12-in.  hydraulic  dredge,  provided  the 
pioiht  of  discharge  is  30  ft.  or  more  heyond  the  levee.  For  canals 
having  a  cross-sectibn  much  in  excess  of  10.  cu.  yd.  per  lin.  ft., 
a  larger  levee  will  be  required. 

Suction  dl-edges'are  suhject  to  delays  through  the  stoppage  of 
suction  pipes  and  pumps  froln  grass  roots  and  other  debris. 
The  larger  sizes  are 'seldom  troubled  by  anything  smaller  than 
stumps.  Nothing  less  than  a  10-iri.  pump  should  be  used  for  work 
of  this  class  owing  to  frequent '  stoppages  of  the  suction  line. 
Very  large  sizes  are  unsuitable  because  they  require  hulls  of 
too  large  a  size  for  small  canals.  A  12-in.  dredging  piimp  with 
all  necessary  equipment  cah  be  mounted  on  a  barge  24  x  80  ft. 
which  will  be  fbtind  suitable  for  digging  30  ft.  canals. 

T^pes  of  Gutter  Heads.  Rotary  cutter  heads  are  used  on  the 
suction  line  from  the  jiumj),'  their  design  and  speed  of  rotation 
being  dictated  by  the  character  of  the  material  excavated.  In 
hard,  gravelly  material  a  rugged  cutter  head  is  required  which 
will  produce  the  maximum  agitation  of  the  material.  lii  the 
muck  and  soft  clay  soils  of  the  lower  Mississippi  delta  a 
slicing  action  of  the  blades  secures  better  results,  especially 
il  combined  with  only  moderate  speed  of  rotation. 

For  the  excavation  of  narrow  canals  a  ladder  is  rtquired  which 
is  flexible  in  all  directions,  as  the  space  is  too  limited  for  keep- 
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ing  the  intake  to  its  work  by  swinging  the  hull.  The  swinging 
device  should  be  subject  to  the  easy  control  of  the  operator  in 
order  that  the  greatest  economy  of  operation  may  be  assured. 
The  effective  work  of  a  hydraulic  dredge  depends  to  a  great  ex- 
tent on  the  percentage  of  solids  discharged.  This  percentage  will 
drop  if  the  dredge  is  operated  carelessly,  or  if  it  is  not  equipped 
so  that  the  cutter-head  may  be  kept  close  up  to  the  work  and  sd~ 
regulated  ithat  it  will  not  clog.  ;, 

Potuer.— Heretofore  steam  power  has  been  used  almost  ex- 
clusively the  smaller  dredges  being  equipped  with  the  simplest 
type:  of  slide-valve  hoisting  engines.  Hydraulic  dredges  have  usu- 
ally employed  a  better  grade  of  engine  in  their  main  power  unit. 

Great  difficulty  is  experienced  near  the  coast  in  securing  suit- 
able, boiler-feed  water.  The  unlimited  use  of  raw  water  from  the 
canals  results  in  expensive  delays  and  repair  bills  through  the 
rapid  deterioration  of  boilers,  steam  piping  and  engines.  This 
trouble  is  reduced,  though  not  eliminated,  by  the  use  of  con- 
densers. ,  A  dredge  equipped  with  a  complete  salt-water  outfit, , 
including. condenser,  circulating  and  vacuum  pump  and  a  high- 
speed evaporator,  was  constructed  by  the  writer .  in  one  instance 
for  use  in  waters  which,  were  exceptionally  bad.  This  plant  has 
nQW  been  in  nearly  continuous  operation  for  three  years  with  no 
serious  delays  froin  the  steam  end  of  the  outfit.  Although  the 
stpam  auxiliaries  cost:  nearly  the  same  as  the  boiler  itself,  it 
appears  by,  comparing  the  operation  of  this  dredge  with  that  of 
others  operating  in  the  same  water,,  but  not  similarly  equipped, 
that  the  extra  equipment  ha^  paid  for  itself  several  times  over. 

The.  intermittent  bu,t  frequently  excessive,  demands  for  steam 
on  most  types  of  dredges  makes  it  necessary  that  an  ample  ca,- 
pacity.  for  producing  dry  steam  should  be  provided.  Condensers, 
evaporator^  and  steam  separators  are  an  aid,  but  nothing  will 
fully  naake  up  for  ^  a  ;  deficiency  in  boiler  capacity.  Foaming,  due 
to  overcrowding  the  bpilers,  especially  when  supplied  with  poor 
water,  reduces  the  available  power  of  engines,  ,carries  away  the 
lubrication  and  contjiibutes  to  a  large  extent  to  engine  break- 
downs.     .   ..J,    ,_,,,,,,:,.,,, 

Short  Staeks  a  D^isadiiantage.  Another  factor  in  limiting  the 
power  snpply  is  curtailment  of  draft  through  the  unnecessary 
abjjreviation  of  the  stack,  .  There  /is  no  reason  Why  the  average 
floating  dredge  should  not  carry  a  smokestack  more  nearly  ap- 
proximating, the  length  established  as  good  practice  in  other  lines 
of  steam ,  engineering.  In  spite  of  this  fact  it  is  not  uncommon 
to  see  an  80  or  100-hp.  dredge  boiler  supplied  with  a  20-ft.  stack. 
The,  design  of  the  stack,  however,  should  be  based  on  the  coal 
burned  per  hr.  rather  than  on  the  ,rated  horsepower  of  the  boiler, 
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which  should  be  considerably,  in  excess  of  the  theoretical  re- 
quirements. 

American  and  European  Practice  Compared  with  Begard  to 
Dredging.  The  practice  in '  America  and  Europe  differs  con- 
siderably. In  Europe  permanent  plants  are  constructed  for  the 
gradual  execution  of  large  projects  and  this  makes  it  economical 
to  plan  work  along  the  ultimately  cheapest  line,  and  to  construct 
high  prited  plants  for  doing  the  best  work  in  the  most  efficient 
manner.  Oh  the  other  hand,  in  America  the  ordinary  short-time 
contract  of  small  size  compels  the  contractor  to  build  the  cheapest 
plant  that  will  do  the  particular  piece  of  work  in  hand.  How- 
ever, this  condition  in  America  is  rapidly  changing,  the  increased 
size  of  ocean  vessels  and  the  expansion  of  commerce  demanding 
larger  and  deeper  channels  and  better  harbor  facilities.  A  num- 
ber of  large  and  powerful  dredges  have  been;  built  in  the  last 
decade. 

Government  Dredging  vs.  Contract  Dredging.  Engineering 
News,  Apr.  2,  1914,  gives  the  following: 

Lieut.-Col.  Harry  Taylor,  Corps  of  Engineers,  U.  S.  A.,  As- 
sistant to  the  Chief  of  Engineers,  Washington,  D.  C,  has  com- 
piled the  following  data  in  regard  to  the  relative  costs  of  dredg- 
ing with  government-owined  pla,nt  and  by  contract,  which  are 
published  in  the  Professional  Memoirs  of  the'Corps  of  Engineers 
for  March-April,  1914.  The  data  cover  the  fiscal  year  June, 
1912,  to  June,  1913,  and  are  essentially  as  follows: 

(a)  Government  dredges  excavated  during  the  year  a  total  of 
52,564,497  cu.  yd.- at  an  average  rate  of  7.2  ct.  per  cu.  yd.  This 
amount  of  material  was  divided  between  the  different  classes  ai 
government  dredges  as  follows : ,  Hydraulic  pipe-line  dredges, 
21,351,780  cu.  yd.  at  a  cost  of  6.4  ct.  per  cu.  yd.;  by  seagoing 
dredges,  27,502,996  cu.  yd.  at  a  cost  of  6.14  ct.  per  cu.  yd.;  by 
dipper  and  bucket  dredges,  3,709,721  cu.  yd.  at  a  cost  of  19.8  ct. 
per  cu.  yd. 

(6)  Dredging  contracts  completed  during  the  year  or  in  force 
at  the  end  of  the  year,  included  a  total  excavation  of  181,873,125 
cu.  yd.  at  an  average  rate  of  14,4  ct.  per  cu.  yd.  This  excavation 
was  divided  among  different  classes  of  djredges  as  follows:  Hy- 
draulic pipe-line  dredges,  101,518,980  cu.  yd.  at  a  cost  of  10.16 
ct.  per  cu.  yd.;  by  dipper  and  bucket  dredges,  80,354,145  cu.  yd. 
at  a  cost  of  19.8  ct.  per  cu.  yd. 

In  the  cost  of  dredging  by  government  plant  there  is  included 
all  expenses  for  operation,  ordinary  and  extraordinary  repairs, 
surveys,  and  such  office  expenses  as  are  chargeable  to  dredging 
operations,  while  the  cost  of  the  contract  dredging  is  the  contract 
cost  only,  and  does  not  incliide  the  cost  of  government  inspection, 
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surveys;  office  expenses,  etc.,' that  are  charged  against  the  gov- 
ernment plant.  ' 

The  government  dredging  plant  comprises  22  seagoing,  dredges, 
54  hydraulic  dredges,  4U  dipper  dredges,  22  bucket  dredges  and 
the  necessary  equipment  of  tugs,  scovifs,  pontoons,  barges,  etc., 
representing  a  total  investment  of  $12,583,563.  Lieut.-Col.  Taylor 
concludes  that  the  saving  in  cost  had  the  government  dredged  the 
181,873,125  cu.  yd.,  which  were  let  by  contract,  would  Have  paid 
for  all  the  dredging  equipment  at  present  owned  by  the  gov- 
ernment. 

[Thesie  figures  are  not  to  be  taken  too  seriously.  They  do  not 
show  the  comparative  sizes  of  government  and  contract  jobs. 
Moreover,  interest  and  depreciation  (exclusive  of  repairs)  on  the 
government's  investment  are  not  stiated  and  may  not  bfe  included. 
It  is  probable  that  were  the  government  to  call  for  bids  on  large, 
long-time  dredging  contracts,  the  contract  prices  would  be  below 
:the'  total  6ostS  T*ith  government  dredges. —  The  Authofl]  ' 

Combined  Grab-Bucket  and  Dragline  Dredges.  A  locomotive 
crane  or  hoisting  engine  and  derrick  mounted  on  a  scow  makes 
a  serviceable  grab-bucket  dredge;- and,  if  properly  designed,  may 
also  be  used  as  a  dragline  excavator    (Fig.  1). 

(This  same  crane  also  is  used  with  a  dragline  bucket.) 

Stone  Grapplers.  These  are  specially  designed  grab-buckets 
for  use  in  lifting  rocks  and  boulders  from  the  bottom'  of  rivers, 
for  ripping  out  crib  work  and  for  pulling  stumps  from  streams. 
Sizes  of  from  1  to  10  cu'.  yd.  are  available. 

-  Proportions  of  Orange-Peel  Dredge.  The  following  table  il- 
lustrates the  ideas  of  Arthur  M.  Shaw,  previously  quoted,  as  to 
suitable  proportions  for  a  1%-yd.  orange-peel,  gravity-Swing 
dredge  designed,  for  a  given  reach  of  50  ft.  from  the  side  of  the 
excavation.  These'  proportions  contemplate  setting  the  machinery 
down  in  the  hull. 

Width  ot.  hull 36  It. 

>Length  of  hull  80  ft. 

'  Depth  of  hull 6  ft. 

-    I  Length  of  boom   ; .,,.., 75  ft. 

Sp;read  of  inai;a  drums   ,.. , 16  ft. 

Double-cylinder  maiti  eiigine  ..' '.'..U','.' 10x12  in. 

Boiler  , ;... i., 80  hp. 

Diameter  of  stack 27  in. 

Height  of '  stack    ' ; . . ; , ! 50  ft. 

Clamshell  Dredge  -with  195-ft.  Boom.  Engineering  News,  Mar. 
1,  1917,  desoribea  a  elainshell  dredge  with  a  5-yd.  bucket  for  use 
in  building  levees  along  California  rivers.  The  boom  is  made  up 
of  three  lengths',  the  outer  section  20  by  22  in.,  and  the  other 
sections ,  22  x  22  in.     The  total  length  of  the  boom  was.  195  ft. 
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It  is  trussed  vertiesilly  and  laterally,  long  timber  spreaders  car- 
rying the  side  I  truss  rods.  To  take  care  of  the  list  of  the  dredge 
when  the  boom  swings  out  90°  from  the  center  line,  the  A-frame 
cap  is  5^  ft.  forward  of  the  pivot  point  of  the  lower  end  of  the 
boom  known  as  the  heel  casing.     When  the  boom  swings  at  right 


Fig.  2.     Stone  Grappler  for  Use  on  Dredges.     Made  by  Theodore 
Smith  and  Sons,  Jersey  City,  New  Jersey. 

angles,  the  dredge  has  considerable  list,  and  this  offset  permits 
the  boom  to  swing  around  on  practically  a  letel  plane.  If  the 
dredge  is  properly  balanced,  the  righting  of  the  dredge  when  the 
bucket  is  emptied  will  swing  the  boom  back  to  center  line.  This 
makes,  rapid  handling  possible  even  with  so  long  a  boom,  and 
gives  an  effective  machine  for  building  levees  of  material  exca- 
vated in  the  stream.  , 
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_A  "  Storage  Drum "  for  Dredge  Cable.  Engineering  yevis,, 
Feb.  7,  1907,  gives  the  following: 

A  cable  drum  of  special  design,  invented  and  patented  by 
W.  S.  Edwards,  has  an  extension  of  about  800  ft.  of  cable  in  addi- 
tion to  the  200  ft.  working  length,  so  that  a  single  cable  1,000 
ft.  long  is  carried.  With  the  ordinary  arrangement  this  dredge 
would  have  a  hoisting  cable  about  180  ft.  long,  and  when  this 
is  broken  the  entire  cable  would  have  to  be  thrown  away.  As 
the  cable  usually  breaks  'at  about  80  ft.  from  the  outer  end,  the 
remainder  is  then  too  short  for  further  use.  With  the  Edward 
"  storage  drum  "  only  about  80  or  90  ft.  of  the  outer  end  of  the 
cable  is  lost.  The  working  length  is  restored  by  paying  out  suffi- 
cient cable  froih  the  storage  part  of  the  drum.  Since  cables  of 
this  kind  cost  about  $2  per  it.  ( cables  referred  to  are  2%  in. 
dipper  cables)  and  they  usually  break  in  less  than  a  month  and 
sometimes  in  less  than  a  week,  averaging  about  3  weeks  in  a 
season  of  30  weeks,  this  cable  storage  system  would  effect  a  sav- 
ing of  $2,000.00  in  cost  of  cable  alone,  for  ten  100-ft.  lengths  of 
cable  thrown  away.  In  addition  there  would  be  a  saving  of  about 
3  hr.  for  each  break  or  30  hr.  for  the  season.  At  $30  per.  hr. 
this  would  mean  $900.  Contractors  who  have  used  this  rig  say 
that  in  actual  use  it  has  saved  even  more  than  that.  The  total 
saving  of  cable  and  time  during  one  sesaon  being  about  $3,000. 

Cost  of  Clam-Shell  Dredging  at  Oakland,  Cal.  The  cost  of 
dredging  with  clam-shell  dredges  at  Oakland,  Cal.,  is  given  by  L. 
J.  Le  Conte  in  Transactions,  Institute  Civil  Engineers,.  Vol.  89 
(1887).  These  machines  were  unable  to  dig  clean  sand  success- 
fully and  in  hard  material  could  do  nothing.  The  plant  employed 
comprised  the  following: 

2  clam-shell  dredges   .:, $40,000 

1  large  tug  boat  25,000' 

4  dump   scows 20.000 

2  water-boats     ;  , ,   3.000 

Total  plant    ..• $88,000 

The  loaded  scows  were  toTved,  one  mile  to  the  dumping  ground,, 
The  depth  excavated:  was  24,  |t.  The  jnaterjal  was  soft  mud.  The 
cost  exclusive  of  interest,  depreciation,  insurance  and  taxes  was 
as  follows  for  two  dredges  operating  over  a  period  of  8  yr. : 

Salary  of  employees  $210,962 

Repairs    .-. 94,504 

Cokl     , 81,725 

dhip  chandlery  and  water  ,, 32,851 

Miscellaneous,     including    docking    dredges,     tugs 

and   scows    •' 2,637 

Total  for  8  years $422,679 
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Number  of  cu.  yd,  dredged  5,603,401       A 

Number  of  hours  worked  31,670  . 

Cost  per  eu.  yd.,  ct 7.54 

Vacuum  Pump  and  Delivering^  Dredge.  A  dredging  apparatus 
used  at  Far  Rockaway,  Long  Island,  N.  Y.,  was  described  in 
Engineering  News,  June  13,  1895.  The  dredge  consisted  of  a 
large  rectangular  hull  with  two  derrick  towers  at  the  bow 
end,  each  one  of  which  handled  an  orange-peel  bucket.  The  equip- 
ment throughout  the  dredge  was  in  duplicate.  The  material  was 
dumped  into  hoppers  or  receivers  from  each  pf  which  a  pipe  led 
to  the  pumping  apparatus.  This  apparatus  was  a  Hussey  pump 
practically  on  the  same  plan  aa  the  old  Savary  pump  or  modern 
pulsometer,  the  suction  being  obtained  by  means  of  a  vacuum 
and  the  discharge  through  direct  steam  pressure.  The  plan  of; 
working  was  as  follows:  When  the  hopper  was  filled  with 
sufficient  material  to  fill  the  pump,  a  vacuum  was  created  by  a 
water  supply  condensing  steam  in  a  chamber,  and  the  load  was 
driven  into  the  pump  by  the  pressure  of  the  outside  air.  Steam 
at  10  to  100-lb.  pressure  (according  to  the  height  of  lift  and  the 
length  of  the  discharge  pipe)  was  then  admitted.  This  forced  the 
material  through  the  shore  delivery  pipe.  Both  pumps  discharged 
into  the  same  pipe,  thus  keeping  the  column  moving  at  a  fairly 
constant  rate.  Both  the  Badger  and  Riker  pumps  worked  on  the 
same  plan,  but  discharged  the  material  into  chutes. 

'A.t  Rockaway  the  orange-peel  buckets  w6re  from  4.5  to  6  cu.  yd. 
in  capacity.  The  hoisting  engine  had  a  cylinder  14x18  in.;  the 
vacuum  pump  has  a  28-in.  cylinder;  the  steam  pressure  was  18 
to  35  lb.  per  sq.  in.  The  discharge  pipe  was,  2,500  ft.  long. 
With  the  pump  making  1.5  tp  2  strokes  per  min.,  in  material  con- 
^sisting  of  70%  sand  and  gravel,  and  30%  mud,  500  cu.  yd.  per 
h'r.  were  dredged.  The  apparatus  handled  large  stones  readily. 
The  material,  as  delivered  from  the  pipe,  was  50%  water  and 
50%  solid  matter. 

On  the  Massena  Canal  a  special  designed  dredge  of  somewhat 
similar  type  as  the  above  described  machine  was  used.  This 
dredge  was  equipped  with  rotary  cutters  and  disintegrating 
water  jets.  The  material  was  dredged  with  4-cu.  yd.  orange-peel 
buckets  dumping  into  hoppers,  and  thence  fed  to  centrifugal 
pumps.  John  Bogart,  in  Engineering  News,  Oct.  30,  1902,  stated 
that  these  machines  could  handle  the  softer  material,  as  a 
whole,  but  the  vacuum  method  of  transmission  was  a  failure,  the 
clay  forming  into  balls  in  the  hopper  instead  of  remaining  sus- 
pended in  the  water. 

While  clay  will  form  into  balls  in  centrifugal  dredges  it  will 
pass  through  the  pump  and  pipe  line. 
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Cost  in  Clay  with  a  Large  Clam-Shell  Dredge.  The  following 
is*  given  by  Emile  Low  in  Engineering  News,  Oct.  11,  1906. 
The  Buffalo  breakwater  was  composed  in  part  of  a  rubble 
mound  resting  on  a  sand  foundation.  This  foundation  was 
dumped  from  scows  as  soon  as  possible  after  a  trench  had  been 
dredged  to  receive  it.  The  natural  material  composing  the  bot- 
tom of  the  harbor  was  chiefly  a  moderately  stiff  red  clay,  mixed 
with  some  blue  clay,  the  weight  in  general  being  about  3,300  lb. 
Iper  cu.  yd.  Overlying  the  clay  was  a  layer  of  sand  1  or  2  ft. 
tiiick,  and  underlying  it,  next  to  the  bed  rock,  was  a  layer  of 
hard,  blue  clay,  mixed  with  broken  stone  or  gravel,  with  boulders 
in  places.     The  material  was  excava,ted  from   depths   up  to   70 

The  dredge  built  for  excavating  this  trench  was  a  10-yd.  clam- 
shell dredge,  operated  by  an  18  x  24-in.  main  engine,  and  two  sec- 
ondary 10  X  12-in.  engines,  supplied  with  steam  from  tw6  boilers. 

JThe  dredged  material  was  transported  to  the  dumping  ground, 
10,000  ft.  distant,  in  1  hr.  6  min.  Three  steel  scows,  each  hold- 
ing an  average  of  400  cu.  yd.  were  used. 

During  the  season  (from  May  5  to  Oct.  16,  1899),  316,343 
cu.  yd.  scow  measure,  or  286,335  cu.  yd.  place  measure,  were 
dredged.  This  shows  an  increase  of  scow  over  place  measure  of 
10.48%.  The  crew  employed  and  their  monthly  wages  were  as 
follows : 

1  runner     $90 

1  second   runner  ^ 35 

1  fireman    T 35 

1  deckhand    35 

1  greaser     30 

1  watchman     .-  30 

7  deckhands   at  $30    210 

1  cook  ■ 30 

1  cook's   helper 15 

Total  monthly  wages   $510 

The  work  began  at  5  A.  M.  and  ended  at  7  P.  M.  with  1  hr.  out 
for  two  meals,  leaving  a  net  working  day  of  13  hr.  For  working 
overtime  the  men  received  15  ct.  per  hr.  Subsistence  cost  $12 
per  month  per  man.  One-half  the  wages  of  the  superintendent 
or  $62.50  per  month  was  charged  to  dredging.  The.  cost  of  fuel 
was  0.55  ct.  per  cu.  yd.  dredged. .. 

Pumping  of  dredges  and  scows  was  performed  by  a  steam 
siphon  rigged  up  on  an  old  dredge.  The  cost  per  month  was 
$40  for  1  man,  plus  $30  for  20  tons  of  coal  at  $1.50,  a  total  of 
$70. 

New  steel  cables  cost  $100  per  month;  oil,  grease,  waste,  etc., 
$20;  blacksmith  shop,  $175;  hemp  lines,  cables,  etc.,  $40;  miscel- 
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laneous  expenses,  $50';  yard  expense,  $100  per  month.  Ramge 
piles  and  buoys  cost  $256  for  the  season.  Small  tugs  with  coal, 
$20  per  day ;  large  tugs,  coaled,  $25 ;  larger  tugs,  coaled,  $30 
per  day. 

The  approximate  value  of  the  plant  was  as  follows: 

,,  Clam-shell,  dredge $60,000  ""     ' 

3  BtSel  dump  scows 32,000      '■'''' 

Total  plant    !.-. $92,000 

The  annual  depreciation  at  10%'  amounted  to  $9,200,  and  the 
annual  interest  at  6%  to  $5,520,  a  total  of  $14,72Cl. 

The  cost  of  the  work  during  the  season  of  1899,  was  as  follows 
for  316,343  cu.  yd.  scow  measure. 

Per  cu.  yd. 

Superintendence $0,001 

Wages     .........: 0.009 

Board 0.003 

Opal 0.005 

V         Towing,  tug  hire  0.018  " 

Syphoning     0.001 

,  Cables,,  main,  steel   0.002 

Lines,  ropes,   etc.,  hemp   0;001 

Blacksmith   shop 0.003 

.Yard  expenses,,..., 0.002 

'  Miscellaneous  '  expenses ." 0.001 

,   Eange  piles  and  buoys .:.: 0.001 

Total  operating  charges  ($14,702)    $0,047 

Depreciation   and  interest  ($14,720)    0.046 

Total  cost  ($':9,422) $0,093 

The  above  does  riot  include"  overhead  expenses,  dockage,  heavy 
repairs  and  renewals,  insurance,  cost  of  getting  to  and  from 
the  work,  preparatory  expenses,  etc.  The  contract  price  was  18 
ct.  per  cu.  yd. 

During  the  five  months  of  the  season  of  139  working  days,  1,121 
hr. -were  actually  worked,  and  801  hr.  were  lost  on  account  of 
delays.  During  this  period  952  scows,  holding"  an  average  of 
332.3  cu.  yd.  each,  were  loaded  in  the  average  time  of  1..18 
hr.  per  scow.  The  average  number  of  hr.  worked  per  day  was 
8;  the  average  amount  dredged  per  hr.  worked  was  282.1  cu,  yd., 
and  per  day  was  2,263  cu.  yd.  The  maximum  day's  work  was 
5,037  cu.  yd.,  and  the  maximum  hr.  work  was  438  cu.  yd. 

The  delays  were  as  follows: 

Hrs 
Dredge:    Repairs    to    cables,    bucket,     engines,     boilers, 

frame  and  boom,  general  140      ■ . ,  -. 

'  Anchors  and  attachn^ents    , '. 7 

Scows :  leaking,  repairs,  pumping,  delays,  tug  delays 59 

Bain,  fog,  sea   V ,.,, :,...,.,..    322 


METHODS  AND  COST  OF  DREDGING  685 

Moving  and  placing   ■ 68 

;;      Meals    ....:.'...:• t 125 

Miscellaneous i 37 

Holidays     ,',  43 ,      , 

801 

Cost  with  Clamshell  Dredges  at  Vioksburg.  H.  St.  L.  Copee 
gives  the  cost  of  dredging  in  Vicksburg  harbor  in  1888,  in  the 
discussion  of  a  paper  published  in  Transdotions  American  Society 
of  Civil  Engineers,  Vol.  31,  1894.  The  machine  used  was  a  clam- 
shell dredge.  The  daily  (2  shifts)  cost  of  the  work  was  as  fol- 
lows per  24  hr.: 

16  laborers  at  $30  per  month   j. $16.00         - 

I  : ,  ;   2  enginemen  at  $60  per  month 4.00 

2  captains  at  $125  per  month 8.25    ' 

2  cooks  al;  $45  per  month  ......: i         3j00 

Dredge  total .' $'31.25 

6  men  at  $30  per.  month  $    6.00 

2  Captains  at  $125  per  month  8.2B'    ' 

2  cooks  at  $45  per  month  3.00 , 

,<,     ,;. 2  engineers  at  ,$60  per  month  , 4.00 

Tug  total $21.25; 

Subsisting  36  men  (including  2  inspectors)  at  50  ct...        18.00 

Goal  ior  dredge  and  tug  (6  tons)  ,...<. 25.00    ■ 

I   Incidentals,   repairs    , 10.00 

■        \                     '  ■     53.00  :    ,  . 

Total  per  24-hr.  day $105.60 

The  average  monthly  output  was  .5.5,529  cu.  yd.  (scow  measure) 
and  the  cost  5,5  ct.  per  cu.  yd.  This  cost  does  not  include  in- 
terest or  depreciation,  or  the  cost  of  getting  the  dredge  to' the 
working  locality.  .  The  depth  of  water  was  35  ft.  The -material 
dredged  was  mud  and  silt.  The  dumping  ground  was  1%  miles 
distant.  ;     ■ 

low  Cost  with  an  Orange-Peel  Bredge.  According  to  a  letter 
of  A.  M.  Shaw,  Engineering  News,  Apr.  30,  1914,  tlie  following 
is  the  cost  of  operation  of  a  1%-cu.  yd.  orange-peel  dredge  during 
a  run  of  15%  months. 

Labor  (double  shift) 1  $  6,458.5,4 

Fuel    .^ 4,776,09 

Main  hoisting  cables .'  ,lj011.04 

Kepairs '  and  renewals  (other  than  cables) i2,;18i.!l,9 

Lubricating   oil 280.08 

Miscellaneous    supplies ' 357.36 

General    (includes    board    of    crew    and    operation    of    gasoline 

tenders,    etc.) , 2,175.41 

Estimated  amount  of  supplies  used  in  above  time,  but  paid  for 

by  vouchers  of  following  month  (liberal  estimate)  1,200,00 

Total  operating  charge $18,442.81 
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MisAellaneouS.  and  Overhead  Expense? :  ...      i      :  ,       , , , ;  , 

Proportion  .of . cost  ol  running  main  office  and  engineering  force.    $  3,050.00 

Interest  on  .cost  .of  dredge. at  5%  ...., 1,080.00 

Depreciation,  at  6%  ;  1,300.00 

Depreciation  and  interest  on  house  boat,   fuel  barges  and  other  ■' 

auxiliaries     600.00 

Insurance  on  dredge  and  auxiliaries  B28.00 

Total  miscellaneous  and '  overhead   .....' %  6,5S8.00 

Total  cost ~ ,  ,$25,000.81 

Total  material  excay^ted,   cu.  yd -.         924i20'4 

Cost  per  cu.  yd '.:..' ;'....... ' $0,026 

.  ,The  material  excayaited  was,  unusually  well  suited  to  the  type 
of  dredge  used,  being  a  light-weight  muck  over  a  spft-  elay.  Ocr 
casional  sand  deposits  were  encountered,  but  these  formed  a  very 
small  percentage  of  the  work.  The  kind  of  material  accounts  for 
the  low  cost.  The  measurements  of  material  handled  were  taken 
in  excavation.  Operating  charges,  were  from  actual  cost  records 
excepting  the  estimate  shown  on  the  last  item,  Wages  were  some- 
what lower  than  those  paid  in  most  Northern  states.  Oil  was 
used  for  fuel  until  the  co'st  came  to  $1.25  per  bbl.  delivered,  when 
coal  was  substituted,  at  a  cost  of  about  $4  per  ton. 

Dredge  with  Dragline  Bucket.  In  1904  a  small  dredge 
equipped  with  a  derrick  for  handling  a  Page  dragline  scraper,  was 
used  to  excavate  compact  glacial  drift  from  under  water,  for 
filling  a  cofferdam  at  Green  Lake,  Wis.  The  material  consisted  of 
a  light  covering  of  sand  overlying  packed  marl,  clay,  gravel  and 
boulders.  A  centrifugal  pump  proved  a  complete  failure,  and  an 
orange-peel  bucket  brought  up  only  30  lb.  per  trip.  The  scraper 
bucket  handled  300  to  4QCI  cu.  yd.  per  day.  The  hull  of  the  dredge 
was  42x28x2,5  ft.  in  size.  .,  The  derrick  had  a  32-ft.  masi  and 
95-ft.  boom,  both  of  12  x  12-in.  pine.  The  power  equipment  com- 
prised two  engines  and  a  boiler. 

Dipper  Dredges.  Engineering  News,  May  14,  1903,  describes  the 
dipper  dredge  as  follows: 

A  dipper  dredge. is  really  a  scow-mounted  steam  slipyel.  The 
machinery  is  usually,  of  larger  size  than  that  used  for  work  on 
land,  thp  dipper  handle  being  very  long  and  the  dipper  ranging 
in  size  from  %  to  15  cu.  yd.  This  type  of  machine  is  best  for 
general  purposes.  Dipper  dredges  are  comparatively  cheap  and  i 
simple  in  construction,  can  do  harder  and  heavier  work  than  the 
other,  types  of  dredges,  and  can  deal  with  stumps,'  root,s,  and  other 
ohstTuctions.  Hard  compact  material  such  as  glacial  drifts  can 
be  dug  because  of  thei  positive  application  of  the  power  to  the 
penetration  of  the  bucket.  In  fact  this  type  of  dredge  is  the  only 
one  capable  of  handling  very  hard  -material  such  as  cemented 
gravel  and  large  pieces  of  blasted  rook. 

The  dipper  dred*ge  possesses  one  great  advantage  over  the  other 
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kinds  because  of  its  "  spuds."-  Sp^ds  are  legs  of  heavy  timber 
(or,  sometimes,  steel)  which  are  raised  and  lowered  vertically, 
and  when  sunk  into  the  mud  provide  a  firm  ancJiorage  for  the 
hull.  The  boat  can  manoeuvre  on  its  spuds,  using  its  dipper  tb 
pull  itself  into  any  desiTed  position,  and  consequently  it  does 
not  obstrvct  traffic  with  anchor  lines.  It  can  push  its  scows 
about  with  its  dipper.  While  suited  best  to  comparatively  shal- 
low depths  it  can  dig  equally  well  to  the  full  reach  of  its  dipper 
or  can  cut  barely  enough  to  enable  it  to  float.  By  changing  the 
size  of  the  dipper  it  can  be  readily  converted  from  a  hard  material 
machine  to  a  soft  material  machine.  This  is  a  most  important 
consideration  to  contractors.  The  entire  machine  is  under  the 
control  of  one  leverman  and  the  necessary  crew  of  one  operator, 
one  eranesman,  2  or  3  deckhands  and  a  fireman. 

Dipper  dredges  were  formerly  of  the  crane  type  but  are  now 
usually  of  the  boom  type.  The  average  size  of  dippers  generally 
used  is  about  6  cu.  yd.  The  largest  dredge  of  which  the  writers 
know  is  the  "  Onondaga  "  which  has  a  15-cu.  yd.  dipper,  a  hull  140 
X  50  X  15  ft.  in  size,  and  which  can  excavate  to  a  depth  of  50  ft. 

The  outputs  of  dipper  dredges  depend  nat;jrally  upon  many 
factors,  chief  of  which  are  the  size  of  the  dredge,,  the  depth  being 
excavated,  and  the  character  of  the  material.  On  the  Great  Lakes 
a  dredge  equipped  with  4.5  to  C-ou.  yd.  dipper  excavated  4,450 
cu.  yd.  in  10  hr.  from  depths  of  20  ft.  loading  into  scows. 

Conditions  Favorable  to  the  Dipper  Dredge.  The  dipper  type 
of  gold  dredge  is  suited  to  conditions  where  the  ground  is  some- 
what shaJlow,  where  the  extent  of  ground  is  not  sufficient  to  war- 
rant a  costly  dredge,  where  the  material  is  of  somewhat  rough 
character  containing'  boulders  and  stumps  and  where  the  ground 
contains  adhesive  clay  which  is  difficult  to  remove  from  elevator 
dredge  buckets. 

Cost  of  a  Dipper  Dredge.  The -main  dredge  ditch  of  a  swamp 
in  Harney  County,  Oregon,  was  approximately  24  ft.  wide  and  8 
ft.  deep,  with  banks  sloping  at  1  to  1.  The  work  was  located 
far  from'  railroads  and  mills,  liimber  having  to  be  hauled  60  miles, 
and  it  was  therefore  necessary  to  design  a  machine  the  materials 
and  machinery  for  which  could  be  conveyed  economically.  The 
ground  was  generally  swampy,  the  material  being  namely  a  peat 
soil  on  a  peaty,  loam'  or  clay  sub-soil  with  pockets  of  cobbles  and 
gravel.  The  machine  determined  upon  for  the  work  was  a  dip- 
per dredge  with  a  1%-yd.  dipper. 

This  dredge  had  a  hull  of  lumber  19x75x6  ft.  in  size.  The 
boiler  was  a  50-hp.  locomotive  type  boiler,  and  there  were  2 
engines,  10x12  in.  in  size,  for  operating  the  crane,  and  7  smaJl 
auxiliary   engines    for   hoisting    spuds,    etc.     The    largest   single 
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piece  was  the  boiler  which  weighed  7,000  lb.  The  crane  was  han- 
dled in  three  parts  of  2.67  tons  each.  About  2%  months'  time 
was  required  to  construct  the  hull  and  barges.  The  cost  of  the 
plant  was  approximately  as  follows: 

Machinery  and  hull '. %  9,750 

Quarter-boat,  2  wooden  scows,  etc 4,900 

Freight     2,100 

Hauling 1,200 

Total  cost  of  plant  $17,950 

The  crew  consisted  of  1  engineman,  1  fireman,  2  deck  hands,  1 
cook  and  the  necessary  jvood  choppers  and  teams  and  drivers  for 
supplying  fuel.  Sagebrush  and  dwarf  juniper  .were  used  for  fuel. 
The  costs  of  obtaining  both  woods  were  approximately  the  same, 
but  the  labor  required  in  firing  the  sage  brush  was  twice  tHat 
necessary  for  the  juniper.  The  latter  wood  had  an  efficiency 
greater  than  that  6f  pine. 

Aligning  a  Dredge  in  a  Canal.  Engineering  and  Contracting, 
Feb.  13,  1907,  gives  the  following:  The  following  method  of 
aligning  a  dipper  dredge  used  in  swamp  reclamation  work  was 
employed  with  success.  A  permanent  back-sight  flag  was  set  on 
the  starboard  water  edge  of  the  canal,  and  two  permanent  fore- 
sight flags  were  set  at  the  end  of  the  proposed  tangent,  one  on 
the  right  and  the  other  on  the  left  of  the  proposed  water  edge. 
Two  3  X  12  in.  planks  extending  out  from  the  dredge  were  spiked 
to  the  port  and  star-board  gunwales  of  the  dredge  to  serve  as 
gages.  These  planks  were  located  directly  opposite  the  runner's 
levers  and  were  placed  at  right  angles  to  the  axis  of  the  scow. 
A  series  of  numbers  was  painted  on  the  gages,  the  numbers  be- 
ing so  arranged  that  the  distance  from  any  number  on  the  star- 
board gage  to  the  corresponding  number  on  the  port  gage  equaled 
the  required  width  of  the  canal  at  the  water  line.  Before  the 
day's  dredging  commences,  the  runner  sets  up  a  temporary  flag 
back  of  the  starboard  gage,  and  in  range  with  the  starboard  back 
and  fore-sights.  After  each  move  of  the  dredge  the  runner  goes 
out  on  the  .starboard  gage  until  he  comes  into  the  back-sight  range 
formed  by  the  temporary  flag.  He  then  faces  the  other  way  and 
spots  some  natural  object  upon  the  forward  cutting,  in  range 
with  the  forward  starboard  sight.  After  noticing  the  number 
that  he  is  standing  upon,  he  goes  to  the  port  gage  and  stands 
upon  the  nuniber  corresponding  to  the  number  on  the  starboard 
gage.  After  selecting  some  natural  object  upon  the  forward  cut- 
ting range  with  the  forward  port  sight  he  returns  to  the  levers 
and  cuts  to  these  natural  objects.' 

Erection  Costs  of  Steel  Knock-Sown  Dredge.  Engineering 
News,  July  6,  1916,  gives  the  following: 
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A  new  design  of  steel  dredge  was  recently  brought  out  by  the 
American  Steel  Dredge  Co.,  of  Port  Wayne,  Ind.  It  is  of  the 
single-line  type.  The  improvements  pertain  to  the  so-called  struc- 
tural part  of  the  dredge  or  the  front  end,  embodying  the  dipper, 
dipper  handle,  boom  and  circle.  Dippers  in  general  use  are  of 
the  square  type,  but  the  one  on  this  dredge  is  made  with  an  ex- 
ceptionally wide  mouth  and  narrow  back.  The  shell  is  formed 
of  one  piece  of  flanged  steel  riveted  to  the  back  casting,  with  a 
flanged-steel  mouthpiece  and  lower  band. 

The  design  of  the  dipper  handle  is  unique,  and  opens  another 
field  for  acetylene  welding.     Dipper  handles  in  common  use  are 


Fig.  5.     Dipper  Handle  Formed  of  Two  Rivetless  Steel  Boxes. 


of  wood  or  of  wood  armored  with  steel  plates  ah  the  four  sides 
or  are  made  of  steel.  In  the  latter  instance  they  are  usually 
built  of  I-beams  reinforced  to  form  a  box  section.  The  construc- 
tion of  the  new  handle  is  a  hollow-steel  box  section  devoid  of 
rivets.  The  box  is  formed  by  coping  the  flanges  of  two  channels, 
so  that  when  the  latter  are  placed  together  they  form  a  section 
of  the  proper  width.'  The  flanges  are  then  welded  for  the  entire 
length  on  both  edges.  Two  of  these  box  sections  are  required 
for  each  handle.  The  racks  are  bolted  on  in  the  same  manner 
as  on  a  wooden  handle.  The  dipper-handle  foot  casting  is  put  in 
place  before  the  channels  are  welded,  so  that  when  this  is  done 
the  channels  contract,  resulting  in  a  tight  fit  on  the  casting. 

The  dredge  has  a  sectional  hull,  built  entirely  of  flat  steel  sec- 
tions of  convenient  sizes  for  easy  handling.  A  complete  hull 
80x20  ft.  in  plan  by  6  ft.  deep  can  be  loaded  on  one  flat-car. 
The  tabulation  that  follows  gives  the  cost  of  transporting  and 
erecting  one  of  the  new  machines.  The  figures  were  furnished 
the  manufacturer  by  the  contractor  and  are  for  one  of  the  new 
dredges,  equipped  with  a  1^-yd.  dipper  and '  50-ft.  boom,  used 
on  a  large  drainage  district  in  Arkansas; 
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Fig.  e.    "American"   Steel  Dredge  with  Bank  Spuds. 

• 

Transporting  ^teel  Hull 
,,   Hull,    weighing    88,000   lb.,    arrived   on   job     Oct    22- 
'  hauled  to  bank  on  Oct.  23 'and  24  '        ' 

60  man-hours  @  20  ct S  1 9  nn 

110  man-hours    @   17%  ct '.'.l'.'.'J'.[\['.'.'.\'."'       1925 

20  hours  for  foreman   o'cq 

Two  days'  teaming 19  00 

Total  transporting  hull   t  5ff  05 

,    ;    ,    -        Erecting  and  Lannchingthe  Hull 
,  Erection  began  Oct.  26;  completed  Nov.  i   (work  de- 
layed 1%  days  by  hull  grdtinding) 

275  man-hours  @  20  ct .• ,  s  i;k  nn 

424  man-hours  ,@   17%  ct 7420 

90  man-hours  ^  12%  ct.  : 1125 

Totar  erecting  hull  '. . ,..', ~il4045 
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Ha  i^liiig ;  Machinery 
Machinery    arrived   on   two  cars  iOct.    29 ;    hauled  to 
dredge  Oct.  30  to  Nov.  4  ' 

50  man-hours  @  20  ct. ' $  10.00 

110  man-hours  @  17  ct 18.70 

30  hours  for  foreman   13.20 

Total  hauling  machinery    %  41.90 

Installing  Machinery 
Began  Nov.  5;  completed  Nov.  27 

480  nian-hours  @  20-  ct '. $  96.00 ' 

170  man-hours    @   12%   ct.    ;...        21.25 

603  man-hours  @  17%  ct 105.52 

Total   inktalling   machinery    $222.77 

Total  cost  of  erecting  dredge   J464.17 

Dredging  with  Steam-Shovel  Mounted  on  a  Hull.  Engineeriitg 
News,  Jan.  18,  1917,  gives  the  following: 

On  canal  clean-up  work  at  Trenton,  N.  J.,  the  Penrisyl^nia 
R.  R.  is  using  the  machinery  of  a  small  revolving  steam  shovel 
mounted  on  a  wooden  hull.     The  boom  and  dipper  handle   are 


Fig.  7.     How  the  Spuds  on  a  Floating  Shovel  are  Operated. 


especially  long,  making  it  possible  to  dig  to  a  depth  of  9  ft.  be- 
low water  and  dump  material  28  ft.  from  the  centerline  of  the 
boat  and  6  ft.  above  water.  The  hull  is  40  x  181^  ft.  in  plan  by 
41^  ft.  deep.  The  outfit  is  efficient  for  digging  small  ditches  or 
for  dredging  shallow  streams.  It  is  cheaper  to  build  than  a  "reg- 
ular dredge  for  the  same  service  and  is  cheaper  to  operate.  The 
shovel  used  is  of  the  Osgood  18  type.       '        ■'  y'. 
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The  truck  frame  of  the  shovel  —  axle  and  axle  bearings  re- 
moved —  is  bolted  to  the  hull.  The  heavy  end-plate  is  bolted 
both  to  the  shovel  frame  and  (by  means  of  an  extension,  plate) 
to  the  hull. 

The  special  parts  required  to  build  this  outfit  are  the  spuds, 
spud  machinery,  backing  drum  at  the  foot  of  the  boom,  and  the 
hull  upon  which  the  machinery  is  mounted.  The  general  arrange- 
ment is  shown  in  Fig.  7.  ,  ' 

To  move  the  dredge  forward:  First,  the  dipper  is  placed  far 
ahead;  ne3ct,"'the  hull  is  floated  by  raising  the  spuds;  then,  by 
starting  the  boom  engines,  the  hull  is  caused  to  move  toward 
the  dipper.  The  spuds  are  then  dropped,  thus  anchoring  the  hull, 
when  the  dredge  is  aga,in  ready  to  excavate. 

Costs  of  Dredgework  on  the  Los  Angeles  Aqueduct.  Engineer- 
ing and  Contracting,  May  31,  1911,  gives  the  following: 

The  costs  of  dredging  are  taken  from  the  monthly  report  for 
February  on  a  section  of  the  Los  Angeles  aqueduct  through  the 
Owens  Valley.  The  dredge  consists  of  a  scow  on  which  is  mounted 
a  No.  60  Marion  electric  shoVel  with  a  V^  cu.  yd.  dipper.  The 
cost  of  the  dredge  was  $19,897  and  was  built  according  to  the 
specifications  of  tbe  aqueduct  engineers.  The  yardage  is  based 
upon  the  theoretical  section  of  the  aqueduct  or  14.81  cu.  yd.  per 
lin.  ft.,  This  is  exceeded  a  small"  amount  by  excess  cutting.  The 
following  are  the  data  for  February:- 

Men  —  number  days 459 

Iiiye  stock  ^-  number  days 68 

Lineal  feet  ; .t  2,625 

Cubic  yards  38,876 

Labor   costs    $1,618.34 

Live  stock  costs  61.20 

Cost  materials  and  supplies 122.07 

Power  cost  .'.... 418.30 

Freight  cost  ; 24.41 

Total  costs    '. "$2,244.32 

Cost  per  cu.  yd $0.0665 

The  cost  per  cu.  yd.  for  the  month  figures  5.65  ct.,  but  the  unit 
cost  given  for  the  work  of  the  dredge  to  date  is  6.7  ct. 

A  Steam  Shovel  Dredge.  Engineering  and  Contracting,  Dec. 
25,  1907,  gives  the  following :  A  steam  shovel  mounted  upon  a 
barge  was  used  in  securing  gravel  from  the  beds  of  streams  for 
ballasting  purposes.  The  gravel  was  obtained  from  streams 
which  contained  very  little  water  during  nine  months  of  the 
year.  The  barge  used  cost  about  $1,000  and  had  a  deck  20x50 
ft.  -Upon  this  was  securely  mounted  oh  a  track  a  steam  shover 
weighing  78,000  lb.  and  having  a  dipper  capacity  of  1%  cu.  yd. 
The  barge  drew  2^  ft.  of  water.     In  excavating  the  gravel,  the 
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■steam  shovel  was  run  forward  on  its  track,  the  bow  of  the  barge 
sinking  and  practically  resting  on  the  bottom,  although  for 
safety  four  10  x  10-in.  spuds  at  the  corners  of  the  barge  were 
used  to  hold  the  barge  stationary.  The  gravel  was  loaded' i into 
ears  on  a  temporary  track  alongside  the  bank.  When  the  gravel 
within  reach  of  the  dipper  had  been  exhausted,  the  shovel  was 
moved  back  on  the  track,  the  bow  of  the  bargei  rising.  The 
barge  was  then  advanced  and  again  secured  by  spuds.  J^he  cost 
of  securing  the  gravel  was  about  4  ct.  per  cu.  yd.  . 

Hydraulic  Jet  £c[uipment  for  Leveling  Spoil  Banks.  Chester 
B.  Loomis,  in  Engineering  News,  July  31,  1913,  gives  a  descrip- 
tion of  a  dipper  dredge  built  especially  for  cleaning  a  part  of  the 
channel  for  the  Los  Angeles  Eiver  and  for  building  levees.  The 
special  feature  of  the  equipment  was  the  hydraulic  giant  for  level- 
ing the  spoil  banks. 

This  dredge  was  equipped  with  a  l^^-yd.  bucket,  55-ft.  boom, 
and  a  dipper  handle  of  such  length  as  to  enable  it  to  dredge  10 
ft.  below  the  water  surface.  The  hull  was  of  steel  75x32x6  ft. 
In  size,  stroijigly  braced  longitudinally  and  transversely  with' 
bulkheads  and  braces.  The  hull  proved  very,  satisfactory  and 
was  lower  in  cost  than  a  wooden  hull.  It  was  erected  and  bolted 
together  in  the  shop,  the  parts  were  then  marked,  dismantled 
and  shipped  knocked  down  by  wagons.  The  entire  hull  was 
riveted  together  in  10  days  by  8  men  and  1  foreman. 

The  standard  equipment  of  this  dredge  comprised  an  8  x  10-in. 
hoisting  engine,  a  6  x  7-in.  swining  engine,  three  12-in.  drums  and 
spud  hoists,  and  a  boiler  working  at  125  lb.  pressure.  In' addi- 
tion to  the  regular  machinery  a  second  locomotive  boiler  ahd  a 
compound  duplex  steam  pump,  9%  x  10  x  12  in.  in  size,  were  in- 
Stalled.  This  pump  supplied  water  to  2  hydraulic  giants  each 
mounted  near  the  bow. 

The  method  of  carrying  out  the  work  was  as  follows:  Brush 
was  cut  in  advance  of  the  dredge  and  piled  on  each  side  of  the  line 
of  the  cut  and  about  10  ft.  back  from  it.  The  channel  being  80 
ft.  wide  it  was  found  more  economical  to  have  the  day  shift 
make  a  cut'half  the  width  of  the  channel,  piling  the  material  on 
one  side  of  the  brush.  After  making  a  cut  and  when  the  dredge 
was  moved  ahead  for  the  next  cut,  the  sluicing  pump  was  started 
and  a  jet  was  played  on  the  spoil  bank.  As  the  bank  was  di- 
rectly opposite  the  giant,  the  water  jet  was  very  effective  and  it 
was  found  that  the  bank  could  be  cut  down  into  a  levee  about  7 
ft.  high,  with  a  top  about  10  ft.  wide,  in  about  one-half  the  time 
it  took  to  excavate  it  with  the  dipper.  At  the  end  of  the  day  the 
dredge  was  moved  back  so  that  the  night  shift  could  start  the 
dredge  on  the  part  yet  unexcavated,  the  same  method  of  sluicing 
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being  employed.     The  spoil  was  largely  sandy  loam  and  silt  with 
occasionah  clay   and   washed   very   easily.     Stumps   were   washed , 
back   or   buried    by   undermining.     Water   pressure   at   30   to   35 
lb.  per  sq.  in.  was  most  effective. 

The  Cost  of  Dipper  Dredge.  Engineering  cmd  Contracting,  May 
29,  1912,  gives  the  following  notes  on  the  cost  of  dredging,  ab- 
stracted from  a  report  by  B.  F.  Powell,  Engineer  for  the  Fort 
Lyon  Canal  Co.,  at  Las  Animas,  Colo. 

The  dredge  was  built  under  the  supervision  of  the  Marion 
Steam  Shovel  Co.  Work  on  it  was  commenced  April  3  and  the 
hull  was  completed  and  launched  on  May  26,  191L  The  boilers 
were  steamed  up  on  June  5  and  used  from  that  time  on  to  furnish 
power  for  erecting  the  balance. of  the  machinery.  The  fifteen-day 
test  was  begun  on  July  1,  when  it  was  demonstrated  that  the 
dredge  would  excavate  its  estimated  yardage. 

The  hull  of  the  dredge  is  100  x  41  x  8  ft.  and  required  13.'3,0O0  ft, 

B.  M.  of  lumber.     It  has  two  120-hp.  boilers,  one  double  10  x  12-in. 

hoisting  engine,  a  double  8  x  lO-in.  swinging  engine,  an  80-ft,  boom 

■  and  a  21^-yd.  bucket.     The  amount  of  work  accomplished  by  the 

dredge  in  the  soft  material  in  which  it  worked,  was: 

f  Cu.  yd. 

July     ,.! '. 74,000 

AmgiiBt'  and  September  130,000 

October .  71,750 

Total    275,750 

.    (. 
The  cost  of  operation  as  given  for  the  month  of  October  was 
3.15  et.  per  cu.  yd. 

The  dimensions  of  the  irrigating  and  storage  canal  now  being 
completed,  are  120  ft.  on  top  and  100  ft.  on  the  bottom  for  the 
first  two  miles  from  the  head  gate;  for  the  next  mile  the  width 
is  20  ft.  less  and  after  the  third  mile  the  width  is  again  reduced 
20  ft.,  making  the  bottom  width  60  ft.,  with  1:1  slopes.  The 
depth  is  10  ft. 

The  cost  of  the  dredge  and  operating  expense  for  one  season 
were :  • 

Materials : 

Dredge  equipment   , $14,932.00 

Extra  boiler 1,600.00 

Electric  light  plant   600.00 

Freight    413.96 

Tools    250.00 

Extra    machinery  ' ; 571.17 

Boiler  flues    .." 236.80 

Oakum 4.50 

Ste^l  and  castings  427.70 

Wire  rope  510.75 

Oil   317.27 

:    Coal  and  hauling   2,896.68 
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Hardware , ,      1)880,22 

Groceries  and  camp  supplies  1,611:45 

Lumber     5,033.27 

Total   materials    $31,185.77 

Labor : 

Constructor $     584.70     " 

Foreman 984.92 

Cook     ...'.. 155.00 

Dredge   runner    722.83 

Labor  ' 1,717.03 

Carpenters    ^ 1,232.05  / 

Hauling    < 404.45 

Sundry  expenses,   materials,   teams,   labor    2,818.33 

Tota}  labor   » ; : $  8,619.31 

Total,  labor  and  material  $39,804.08  ^ 

The  above  table  shows  the  cost  of  the  dredge,  its  construc- 
tion and  its  operation  until  the  end  pf  the  season,  NoVi  1,  1911,  as 
shown  by  the  company's  books.  If  we  multiply  the  ^yardage 
excavated  by  about  4  ct.  (the  cost  of  operation)  and  deduct  this 
amount,  $11,030,  from  the  total  shown  in  the  table  the  result 
should. give  the  cost  of  the  dredge  ready  for  operation.  This  is 
$28,774. 

Cost  with  Dipper  Dredge  on  the  Massena  Canal.  The  cost  of 
dredging  on  the  Massena  Canal  is  given  by  John  Bogart  in  a 
paper  read  before  the  International  Navigation  Congress  (see 
Eng.  Wews,,  Oct.  30,  1902). 

For  excavating  indurated  clay  and  boulders  that  could  not  be 
handled  by  a  centrifugal  dredge  nor  an  orange-peel  dredge,  a 
dipper  dredge  with  a  2%-yd.  dipper  was  used.  This  machine  ex- 
cavated from  depths  as  great  as  20  ft.,  loading  into  scows.  Two 
scows  were  employed,  each  having  a  capacity  of  140  cu.  yd.  The 
dredge  excavated  an  average  of  754"cu.  yd.  per  10-hr.  day  for  183 
days.  The  loaded  scows  were  towed  during  the  day  5,500  ft.  to 
the  dumping  grounds. 

The  cost  of  the  dredge,  scows  and  tug  was  $43,000.  In  the 
tabulation  following  repairs  and  renewals  are  estimated  at  10% 
per  annum  and  interest  at  4%  per  annum,  the  daily  cost  being 
figured  on  the  basis  of  the  actual  number  of  days,  212,  worked 
per  year. 

The  cost  was  as  follows : 

Per;day 

Labor,  supervision,  coal,  supplies   ..... $30.56 

Interest,    repairs,    renewals 28.80 

Care  during  winter   .-■;:■; ':■■•■.'■■ ■■•        ■^•^^ 

Total   daily    ••■.VTV ^^'''^^ 

This  is  equal  to  a  cost  of  8  ct.  per  cu.  yd. 
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A  1%-yd.  dipper  dredge  worked  one  season,  the  unit  cost  of 
dredging  being  8  ct.  Dredging  with  a  6-cu.  yd.  dipper  dredge 
also  cost  practically  the  same. 

It  should  be  noted  that  dredges .  can  not  ordinarily  be  ex- 
pected to  average  212  days  worked  each  year. 

Cost  with  a  Small  Dipper  Sredge,  Florida.  The  cost  of  dredg- 
ing mud  and  sand  at  Manatee  River,  Florida,  during  August  and 
September,  1887,  is  given  by  W.  M.  Black  on  p.  ,38  of  "The 
TJnited  States  Public  Works."  The  depth. dredged  was  8  ft.;  the 
depth  of  cut  was  2  to  4  ft.  The  average  distance  to  the  dumping 
grounds  was  3.5  mi.  The  plant  employed  consisted  of  1  dipper 
dredge,  2  tugs,  and  dump-scows.  '  The  time  occupied  was  48  days, 
of  which  25  days  were  worked. 

The  working  time  was  consumed  as  follows: 

Dredge    working    ^ 100.1  hr. 

Dredge  idle,  waiting  for  ,t?ug  89.5^  " 

Dredge,  idle,   repairing  machinery 3.2'  '* 

Dredge  idle,  shifting  and  moving  57.5     " 

Dredge  idle,  pumping  scows  .;... 17.2     " 

25  days  at  10.7  hr.  each  267.5  hr. 

# 
,  The   total   amount    dredged   was    15,302    cu.   yd.,   the    amount 
(iredged  per  working  day  being  612  cu.  yd. 

Dredge':  48  working  days  Per  cu.  yd.    : 

Captain  at  $125  per  month,  plus  $15  board  $0,015 

Engineman  at  $60:  per .  month  ., , 0.008 

Crew  of  7  men  at  $30  per  month 0.033 

Tug:-48  working  days 

Captain  at  $90  per  month,  plus  $15  board 0.011 

Engineman  at  $60  per  month .' 0.008 

2  firemeii  at  $S0  per  month 0.010 

2  deck  hands  at  .$30  per  month  .-. 0.010 

Tug:  28  working  days 

Captain  at  $90  per  month  0.006 

.  ,   2  enginemen  at  $60  per  month  0.009 

2  firemen  at  $30  per  month  0.005' 

Z  deck  hamds  at  $30  per  month  : 0.005 

Materials: 

■Wood  for  dredge,  7  cordis  daily  at  $3  for  31  days 0.043 

Wood  for  tug,  4  cords  daily  at  $3  for  37  days 0.029 

■Wood  for  tug,  5  cords  daily  at  $3  for  24  days 0.024 

5  guide  ^es  at  $5. 

Dredge,  interest,  de^reciatioli  and  repairs   0.1Q6 

Tug,  interest,  depreciation  and  repairs  ^ 0.011 

Tug,  interest,  depreciation  and  repairs  0.008 

Total  per  cu.  yd.  .; $0,341 

Dredging  a  Canal  on  the  Florida  Coast.  George  P.  Miles  gives 
a  description  in  Engineering  News,  Apr.  25,  1904,  of  the  methods 
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used  in  excavating  canals  that  connected  lagoons  along  the 
Florida  coast.  At  first  elevator  bucket  dredges  were  used,  but 
these  were  soon  abanddned,  owing  to  the  constant  wear  on  the 
links  connecting  the  buckets.  In  a  personal  letter  to  the  author, 
Mr.  Miles  states  that  the  Florida  sand  cut  the.  links  of  the  bucket- 
ladder  so  rapidly  as:  to  cause  numerous  delays.  Furthepnore,  the 
cost  of  repairing  dredges  in  Florida  is  larger  than  in  a  country 
where  machine  shops  and  manufacturing  facilities  are  at  hand. 
Although  duplicate  parts  were  kept  in  stqck,  the  repair  costs 
were  very  high,  as  will  be  seen  in  the  statement  of  operation 
expenses  given  later.  Clamshpll,  suction  and  dipper  dredges  were 
also  tried,  the  last  two  being  most  effective.  Osgood  .dipper 
dredges  for  hard  ground  and:  suction,  dredges  for  shoals  of 'recent 
formation  were  found  most  efficient. 

In  dredging  soft  mud  with  dippers  the  mud  would  i  slide  so 
badly  that  it  was  found  necessary  to  attach  a  long  chute. tp.  the 
A-frame  of  the  dredger,  and  to  dump  into  the  chjite.  The  ma- 
terial would  spread  over  the  adjacent  marshes  in  a  thin  layer.  , 
Dredges  on  the  Chicago  Canal.  The  material  on  Sections  0  of 
the  Chicago  canal  was  excavated  mainly  by  steam  dipper  dredges, 
loading  into  scows  that  were  toived  out  to  Lake  Michigan  and 
there  dumped.  A  description  of  the  \vork  is  given,  by  Mr.  Alex. 
E.  Kastl  in  Journal,  Association  of  Engineering  Societies,  vol.  14, 
April,  1895,  from  which  the  following  data  have  been  abstracted : 
The  largest  number  of  dredges  employed  at  any  one  time  was 
five,  of  which  four  worked  steadily  from  May  15  to  December  27, 
1894.  During  this  period  400,262  cu.  yd.  were  drec^ged;  the 
average  output  per  10-hr.  shift  per  dredge  was  606  cu.  yd.,  and 
the  average  scow  load  was  184  cu.  yd.  The  Isirgest  average  out- 
put per  10-hr.  shift  per  dredge  in  any  mopth  was  870  cu.  yd.,  and 
the  least  was  330  cu.  yd.;  the  latter  low  output  being  due  to  the 
fact  that  the  dredges  were  mainly  engaged  in  finishing  the  bot- 
tom and  the  side  slopes.  -The  largest  average  scow  load  was  230 
cu.  yd.,,  and  the  least  was  140.  The  largest  amount  excavated 
by  any  one  dredge  in  10  hr.  was  1,800  cu.  yd.  The  dredges  varied 
in  size,  but  all  had  hulls  about  90x32x9  ft.,  2^  to  3%-cu.  yd. 
dippers,  and  burned  2^  to  3^  tons  of  coal  per  10  hr. 

10-yd.  Dredges  on  the  Cape  Cod  Canal,  llass.  Two  very  power- 
ful dredges  constructed  for  excavating  the  Cape  Cod  Canal  during 
1912  are  described  in  Engineering  News,  Feb.  19,  1914  these 
machines  were  10-cu.  yd-;  dipper  dredges.  The  hulls  were  of 
steel,  135  it.  long,  42  ft.  beam,-  and  10  to  12  JEt.  deep.  The 
crowding  engine  was  a  12xl5-in  double  cylinder,  and  the  main 
engine  an  18-x24-in.  double  cylinder  engine.  The  dipper  handles 
were  70  ft.  long,,  enabling  the  dredge  to  dig  in  40  ft.  of  water. 
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The  dredges  began  excavation  Sept.  1,  1912.  Slight  progress 
was  made  during  the  fall,  the  working:  out  of  defective  parts  caus- 
ing frequent  stoppage.  '  In'  January,  1913,  the  excavation  of  the 
two  dredges  amounted  to  about  32,000  cu.  yd.  per  dredge  per 
month.  The  dredges  were  subjected  to  two  months  of  repairs 
and  changes,  were  returned  to  the  Canal  in  March,  1913,  and 
began  working  continuously  three  8-hr.  shifts  per  day.  Each 
then  averaged  very  nearly  100,000  cu.  yd.  place  measure  per 
month.  In  June  and  July,  1913,.  the  "Governor  Herrick  "  exca- 
vated 120,000  and  131,000  cu.  yd.  place  measure. 

The  season's  performance  by  the  "  Governor  Warfield "  was 
more  •  uniform.  The  output  increased  from  50,000  cu.  yd.  per 
month  to  110,000  cu- yd.  in  July,  and  was  maintained  at  a  rate 
of  120,000  cu.  yd.  per  month  throughout  August  and  September, 
1913.     The  material  was  sand. 

Cost  of  Dredging  on  the  N.  Y.  Barge  Canal.  A  description 
of  some  performa,nces  of  dipper  dredges  on  the  New  York  State 
Barge  Canal  is  given  by  Emile  Low  in  Engineering  and  Contract- 
ing, Apr.  29,  1914.  • 

The  contract  In  general  provided  ^ut  one  price  for  all  excava- 
tion, a  lump  sum  for  each  cubic  yard  of  material  excavated  of 
eyery  name  and  nature;  and  no  attempt  was  made  to  classify  the 
materials  excavated. 

Contract  No.  19  is  prism  excavation  in  Tonawanda  Creek. 
This  included  about  2,842,000  cu.  yd.  of  sand,  gravel,  clay,  etc., 
which  was  let  at  the  contract  price  of  17.5  ct.  Among  the  vari- 
ous machines  working  on  this  contract  was  a  dipper  dredge,  the 
"  BuflFalo,"  with  a  hull  86  ft.  long,  29.5  ft.  wide,  and  8  ft.  high. 
This  hull  was  constructed  of  the  best  grade  of  long-leaf,  yellow 
pine.  The  main  engine  was  a  12.5  by  15-in.,  double  cylinder. 
The  swinging,  engine  was  a  10  by  10-in.,  double  cylinder.  The 
boiler  was  of  the  Scotch  marine  type,  8.3  ft.  in  diameter  and 
10  ft.  long.  The  pinning  up  engine  was  7%  by  7-in.,  double 
cylinder.  The  dredge  was  equipped  with  a  2,5-cu.  yd.  hard-dig- 
ging dipper,  and  a  3.25-cu.  yd.  soft-digging  dipper.  It  could 
excavate  to  a  depth  of  23  ft.  below  water.  The  cost  of  the 
machine  was  about  $35,000. 

The  work  of  the  dipper  dredge  at  the  start  was  mainly  exca- 
vation of  the  prism,  the  material  being  deposited  in  dump  scows, 
towed  to  points  near  the  shore,  dumped  and  redredged  by  two 
clam-shell  dredges,  with  booms  of  80  and  100  ft.  respectively, 
the  dumped  material  being  then  rehandled  into  spoil  banks. 
Later  on  the  dipper  dredge  was  rebuilt  and  was  used  to  dredge 
the  hard  material,  encountered  on  the  bottom  of  the  prism,  which 
in   time   verged   close   to   hard    sand.     This   hard   material   was 


MEtHObS  AUD  cost  of  biJEDGiNG  '701 

dumped  in  various  places  along  the  creek,  and  was  later  handled 
by  the  hydraulic  dredge  "  Niagara."  The  following  tabulations 
show  the  output  of  the  dipper  dredge  for  a  number  of  years: 

Year  Ci^.  yd. 

1908  132,687 

1909  28,100 

1910  81,873 

1911  ,30,500 

1912  ■.-168,1'92' ' 

'  Total  441,352 

The  following  gives  the  month,  cost  of  labor  for  running  the 
dredge  for  a  double  shift  of  10  hours : 

1  captain    $    157.50 

1  runner     137.50 

2  cranemen   at  $106.60    -  213.00 

2  oilers    at   $77.50    155.00 

2  firemen  at  $77.5((   155.00 

4  deckhands   at' $67.50    270.00 

4  scowmen  at  $67.50  ; 270.00 

1  watchman    ; : 60.00 

1  blacksmith     7B.00    ' 

Total  monthly  cost $1,493.00 

As  the  average  monthly  output  of  the  dredge  was  only  about 
10,000  fcu.  yd.,  and  as  thccontract  price  was  17.5  ct.,  amounting 
to  about  $1,750  per  month,  it  is  apparent  that  this  price  barely 
covered  the  expense  of  wages  and  coal. 

Blasting  a  Pit  for  a  Dipper  Dredge.  P.  W.  Wilson,  in  En- 
gineering News,  gives  the  following :  Two  large  ditches  were  to 
be  dug  in  New  Madrid  County,  Missouri.  The  contractor  owned 
two  dipper  dredges,  but  there  was  no  basin  in  which  to  float  a 
dredge  in  order  to, start  the  ditching.  A  pit  was  required  139  x 
50  X  6  ft.  deep.  It  was  decided  that  this  could  be  formed  quickest 
by  blasting.     The  hole  was  shot  by  a  professional  dynamiter. 

Bore  holes  were  put  down,  running  the  length  of  the  proposed, 
pit,  in  ejeven  paraljel  .rows  3  ft.  apart.  The  holes  in  the  middle 
row  were  each  loaded  with  2%  lb.  of  dynamite.  The  holes  in 
the  two  rows  on  either  side  of  the  middle  line  were  spaced  15  in. 
apart  in  the  row  and  each  loaded  with  2  lb.  of  dynamite;  the 
holes  in  the  next  two  rows  were  loaded  and  spaced  the  same 
way.  The  spacing  between  holes  in  the  next  two  rows  was  2% 
ft.  and  the  loading  1%  lb.  per  hole;  in  the  next  two  rows  the 
holes  were  2  ft.  apart,  and  each  was  loaded  i  with  1  lb.  The 
holes  in  the  two  outsida  rows  were  spaced  18  in.  apart  and  loaded 
with  1^  lb.  each.     In  all,  950  lb.  of  dynamite  was  used.       '  ' 

The  result  of  the  shot  was  a  pit  43  ft.  wide,  136  ft.  long  and 
7  ft.  deep  in  the  center.  With  an  average  depth  of  31^  ft.,  with 
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the  exception  of  one  spot  where  a  large  cypress  stump  had  stood 
and  which  caused  the  dirt  to  pile  up.  The  blaster  claims  that 
he  did  not  want  to  lalast  the  pit  in  one  shot,  but  the  contractor 
wanted  it  done  that  way  and  so  he  acquiesced.  The  blaster's 
idea  was  to  blast  out  two  pits  and  then  shoot  out  the  division. 
By  this  method  much  less  earth  would  have  fallen  back  into  the 
excavation. 

Operation  of  ,15-yd.  Dredges  on  the  Isthmian  Canal.  Engineer- 
ing and  Contracting,  Oct.  17,  1917,  gives  the  following:  In  thtf 
early  part  of  1914  the  Isthmian  Canal  Commission  began  operat- 
ing two  15-cu.  yd.  dipper  dredges  on  the  completion  of  the  chan- 
nel through  the  Gaillard  Cut  of  the  Panama  Canal.  .  These 
dredges  —  the  Gamboa  and  Paraiso  —  were  built  by  the  Bucyrus 
Co.,  the  total  cost  including  the  towing  to  the  Isthmus,  being 
$573,287.  The  dredges  operated  so  efficiently  that  the  Commis- 
sion placed  another  contract  with  the  Bucyrus  Co.  for  a  third 
dredge,  of  improved  design,  the  Cascadas.  The  dredge  was  placed 
at  work  in  Gaillard  Cut  on  Oct.  31,  1915,  at  a  total  cost  of 
$376,180.  An  interesting  study  of  the  design,  operation  and 
efficiency  of  these  dredges  was  given  by  Mr.  Ray  W.  Bgrdeau  in  a 
paper  presented  Sept.  19,  before  the  American  Society  of  Civil 
Engineers,  from  which  the  matter  in  this  article  is  abstracted. 

The  following  are  the  principal  dimensions,  etc.,  of  the  Gam- 
boa  and  Paraiso: 

Length  of  hull   '. 144  ft.,  0  in. 

Beam,    moulded    44  ft.'  0  in. 

"^  Bepth,  moulded   13  ft.  6  in. 

Draft    -. 8  ft.  0'  in. 

Digging  depth,  below  water  line 50  ft.  0  in. 

Displacement 1,730  tons 

One  main  engine,  two  cylinders,  compound,  16  by  28  by  24  in. 
One  swinging  engine,  two  cylinders,  compound,  12  by  16  in. 
One  backing  engine,  two  cylinders,  compound,  12  by  16  in. 
Two  forward  spud  engines,  two  cylinders,  compound,  l2  by  16  in. 
One  stern  spud  engine^  two  cylinders,  9  by -9  in. 
Two  deck  winches,  two  cylinders,  6  by^  6  in. 

Two  boilers,  Scotch  marine  type,  126  in.  diameter,  138  in.  long,  water  pres- 
sure,. 150  lb. 
Two  forward  spuds,  48  b;^  48  in.,  and  82  ft.  long. 
One  stern  spud,  30  by  30  in.,  and  83  ft.  6  in.  long. 
Swing  circle,  24  ft.  in  diameter, 
Bail-puB,  235,000  lb. 

Hoisting  pull  on  spud  rope  due  to  engine,  .88,000  lb. 
"Pin  up  '*  pull  on  single  cable,  with  brdke  on  engine,  160,000  lb. 
Capacity  of  rock  dipper,  10  cu.  yd. 
Capacity  of  mud  dipper,  15  cu.  yd. 
Capacity  of  fuel  oil  tanks,  14,200  gal. 

The  displacement  of  the  Cascadas  is  2,095  tons,  and  the  hull 
is  144  ft.  long,  55  ft.  beam,  and  15%  ft.  deep.  Thus,  it  is  11  ft. 
wider  than  the  others,  making  less  reactions  on  the  spuds,  less 
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metacentric  variation  when  digging  over  the  sides,  and'  it  allows 
the  spuds  to  be  inset.  The  spud-well  construction  diif ers  from 
that  of  the  Gamboa  and  Paraiso,  as  their  forward  'spuds  are 
placed  outside  the  hull,  with  tapering  sponsons  fore  and  aft 
to  transmit  the  reactions  to  the  sides  of  the  hull. 

The  dredges  were  supplied  with  interchangeable  buckets  of 
two  sizes,  one  with  a  capacity  of  15  cu.  ydi  and  another  of  10 
cu.  yd.,  for  use  in  rock  excavation.  Having  been  placed  in 
Gaillard  Cut  in  rock  digging  exclusively,  the  larger  dippers  have 
been  seldom  used;  the  smaller  ones,  as  supplied  by  the  con- 
tractors, were  of  extra  massive  construction,  but  were  of  insuffi- 
cient strength  to  withstand  the  severe  use  and  the  impact  from 
a  dipper  stick  load  of  131,000  lb.,  and  were  replaced  later  by 
the  Missabe  type  of  cast  manganese-steel  dippers.  The  over-all 
dimensions  of  the  new  dipper  are  10%  by  9  by  9  ft.;  the  lips 
are  3^4  '"•  thick  at  the  J)ottom  bands,  and  the  body  consists  of  a 
front  and  back  casting  with  lap-riveted  joints  at  the  sides;  and, 
in  addition,  the  lip  is  a  separate  casting  riveted  to  the  front 
piece  and  joined  thereto  by  the  rivets  of  the  tooth  ribs. 

.  All  three  dredges  have  been  working  until  recently  in  Gaillard 
Cut  of  the  Panama  Canal.  The  material  excavated  consisted  of 
hard  and  soft  rock,>  to  depth  of  from  35  to  47  ft.  The  accom- 
panying costs  iiiclude  operation,  that  is,  wages  of  crew,  subsist- 
ence of  crew,  fuel  and  lubricants,  maintenance,  that  is,  the  cost 
of  keeping  the  equipment  in  first-class  physical  condition,  and 
maintenance  only.  Extra  heavy  10-yd.  manganese-steel  dippers 
were  used  on  this  work,  the  dredges  working  continuously  in 
three  8-hr.  shifts.  ^ 

X 

YARDAGE  EXCAVATED  BY  FISCAL  YEAKS 
July  1,  1913,  to  July  1,  1914 

Ou.  yd.        Per  cu.  yd. 

Gamboa 1,825,122  J0.1278 

Paraiso    69,812  0.2931 

Cascadas ■"  

July  1,  1914,  to  July  1,  1915 

Ou.  yd.  Per  cu.  yd: 

Gamboa     I,825,li2  J0.1278 

Paraiso     1,739,228  0.1313 

Cascadas 

July  1,  1915,  to  July  1,  1916    ' 

Cu.  yd.  Per  cu.  yd. 

Gamboa     ' 3,097,226  $0.0731       - 

Paraiso      3,004,104  0.0769 

Cascadas     2,400,492  0.0651 

July  1,  1916,  to  Oct.  1,  1916 

Cu.  yd.  Per  cu.  yd. 

Gamboa     599,575  $0.0713 

Paraiso      818,095  0.0658 

Cascadas 666,656  0.0742 
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World's  Dredging  Record  at  Culebra.  According  to  Ungineet- 
ing  and  Contracting,  May  3,  1916,  from  midnight  to  midnight 
on  Feb.  18,  1916,  the  15-cu.  yd.  dipper  dredge  "  Cascadas,"  work- 
ing in '  Gaillard,  (Culebra)  Cut,  Panama  Canal,  excavated  23,305 
cu.  yd.  of  rook  and  earth.  This  is  believed  to  bb  the  world's 
record.     '  - 

The  actual  working  time  of  the  "  Cascadas "  having  been  23 
'hr.  and  15  min.  during  the  record  day,  the  rate  of  output  was 
slightly  over  1,002  cul  yd.  an  hr.  This  is  about  1,500  tons  an  hr. 
or  25  tons'  a  min.  The  "  Cascadas  "  was  built  by  the  Bucyrus 
Co.,  South  Milwaukee,  Wis.,  and  of  her'  record  the  Canal  Record 
says:  The  IS-yd.  dipper  dredge,  "  Cascadasi"  waS  placed  in  com- 
mission on  Oct.  31,  1915,  and  was  in  the  cut  continuously  until 
'March  20,  when  she  was  brought  to  the  repair  dock  at  Paraiso  for 
renewing  the  starboard  spud.  During  that  time,  slightly  over  i% 
months,  the  "  Cascadas "  excavated  1,447,946  cu.  yd.  and  was 
delayed  by  breakdowns  77  hr.  and  35  min.  Her  average  excava- 
tion was  466  cu.  yd.  per  hr.,  over  a  working  period  of  3,104  hr. 
The  dredge  was  engaged  throughout  in  excavating "  rock.  The 
loss  of  time  from  breakdowns  was  only  2.44%  of  the  total  fork- 
ing time. 

'ladder  Dredges.  Ladder  Dredges  are  known  as  bucket-elevator 
dredges,  chain-bucket  dredges,  endless-bucket' dredges,  conveyor- 
bucket  dredges,  etc.  This  type  of  dredge  is  a  favorite  abroad, 
biit  in  America  it  is  confined  mainly  to  canal  work  and  to  gold 
dredging.  The  comparatively  rare  use  of  this  type  of  machine 
"is  due  to  the  relatively  high  first-cost  and  the  larger  crew  re- 
quired, as  well  as  the  fact  that  other  types  of  dredges  are  suited 
to  work  of.  more  widely  varying  nature.  The  introduction  of 
special  steels  has  rpduced  the  wear  on  such  ^working  parts  as 
chains  and  buckets,  to  a  large  extent,  making  this  type  of  dredge 
one  of  the  most  efficient  for  work  of  large  extent,  except  where 
the  material  is  of  an  extremely  abrasive  nature.  (See  the  fore 
part  of  this  chapter  fpr  a  description  of  the  difficulties  en- 
countered when  using  elevator  dredges  in  Florida.) 

As  the  name  of  this  dredge  implies,  it  has  an  endless  chain 
of  buckets  which  cut  into  and  scoop  up  the  material,  and, elevate 
it  to  the  top  of  the  ladder  on  which  the  line  of  buckets  travels. 
There  the  material  is  delivered  to  an  inclined  chute  or  a  travelling 
]belt  conveyor.  The  earliest  forms  of  these  dredges  had  chutes 
inclined  1  in  10  for  clay  and  1  in  20  for  fine  sand,  but  long 
chutes  became  clogged.  On  the  earlier  work  on  the  Panama 
Canal  auxiliary  jets,  of  water  had  to  be  provided  to  keep  the 
chutes  clean.  Wet  clay  will  slide  down  chute  inclined  1  in  5 
to  1  in  3,  if  the  material,  is  comp?iratively  free  from  sand.     Wet 
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sand  will  not  slide  down  an  incline  of  even  1  in  2  withoiit  a 
free  flow  of  water.  According  to  J.  J.  Webster,  when  the  volume 
of  solid  is  diluted  with  2  or  3  times  its  volume  of  yvater,  the 
best  angles  for  chutes  are  as  follows:  for  soft  mud  1  in'  10;  for 
soft  clay  1  in  12  to  16;  for  fine  sand  and  water  1  in  25.  On 
the  Suez  Canal  work  it  was  found  that  when  fine  sand  was 
mixed  with  equal  quantities  of  water  it  would  flow  down  a  slope 
in  1  in  25. 

The  modern  bucket-elevator  dredge  has  an  endless  belt  conveyor 
instead  of  an  inclined  chute,  which  reduces  the  height  to  which 
the  material  must  be  raised  and  delivers  it  with  the  certainty  of 
not  becoming  clogged. 

-  The  output  of  a  bucket-elevator  dredge  depends  on  the  capa- 
city, and  quantity  of  the  buckets,  the  mode  of  power  transmis- 
sion from  the  engine  to  the  dredging  apparatus,  the  size  of 
dredge,  as  well  as  the  methods  of  operating  and  the  local  con- 
ditions such  as  the  character  of  the  soil. 

Mr.  J.  J.  Webster  in  1887  read  a  paper  before  the  Institute  of 
Civil  Engineers  (England)  in  which  the  gave  the  following 
formula,  based  upon  actual  tests. 

Hp.=  0.04TyH  for  stiff  clay;  hp.=  0.026  T  V  H  for  soft 
mud;  hp.  being  the  indicated  horsepower  required  to  excavate  and 
raise  T  tons  per  hr.  to  a  height  of  H  ft.  Where  T  =  450  and 
H  =  40,  he  found  hp.=  98  in  one  case,  or  1  hp.  excavated  nearly 
4.5  tons  per  hr.  In  the  Transactions  of  the  American  Society  of 
Mechanical  Engineers,  I886-7,  A.  W.  Robinson,  the  well-k4iown 
designer  of  dredges,  gives  a  paper  on  bucket  elevator  dredges  in 
which  he  says  that  certain  indicator  cards  showed  that  1  hp. 
would  excavate  5  to  9  cu.  yd.  per  hr.  on  a  bucket  elevator  dredge, 
both  working  in  the  same  kind  of  tolerably  yielding  material  in 
water  32  ft.  deep.  If  we  assume  a  total  lift  of  40  ft.  1  hp. 
should  raise  16%  cu.  yd-  (3,000  lb.  per  cu.  yd.)  of  earth  per  hr., 
if  there  were  no  loss  in  friction  ,of  machinery,  no  dead  weight  of 
buckets  and  water  to  lift  and  no  force  consumed  in  loosening  the 
material. 

The  bucket  elevator  dredge  is  used  almost  exclif^ively  where 
gold  bearing  gravel  is  excavated.  It  is  claimed  that  the  dipper 
dredge  stirs  up  the  gravel  to  such  an  extent  that  the  gold- 
settles  and  escapes;  and  further  losses  of  gold  occur  through 
the  cracks  between  the  door  of  the  dipper  and  the  sides  of  the 
dipper.  The  writer  is  not  inclined  to  accept  this  theory  of 
gold  loss,  but  it  is  desirable  to  have  a  dredge  like  the  bucket 
elevator  that  delivers  a  steady  stream  of  gravel  instead  of  an 
intermittent  stream. 

Dredging  Silt  Bars,  Muscle  Shoals  Canal.    A  paper  by  A.  D. 
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Edwards  appearing  in  Professional  Memoirs  for  January-Febru- 
ary, 1912,  is  quoted  by  Engineering  and  Contracting,  Jan.  17, 
1912..  iThe  Muscle  Shoals  Canal  is  divided  into  two  parts,  locally 
designated  as  the  upper  and  lower  divisionsj  which  are  separated 
by  8  miles  of  open  river.  The  upper  division  consists  of  two 
locks  connected  by  a  mile  of  canal,  an  upper  pool  2%  miles  long, 
and  a  dredged  chantfel  below  the  lower  lock.  The, lower  division 
is  composed  of  141^  miles  of  canal  and  nine  locks.  Fifteen 
streams  varying  in  .size,  empty  directly  into  the  canal. ,.  Though 
none  of  them  is  very  large,-  yet  at  every  freshet  they  bring  down 
sediment,  and  bars  are  constantly  forming  in  the  channel  oppo- 
site their  mouths.  At  the  entrance  to  both  divisions. of  the  canal 
a  large  amount  of  silt  also  accumulates  at  every  high  water,  and 
constant  dredging  is.  therefore  required  to  keep  it  cleaned. 

A  Bucyrns  dredge  of  the  elevator  type  is  employed  on  the  canal 
.fpr  tjiis  purpose,  haying  the.  following  general  dimensions-: 
Length,  80  ft.,  width  in  eenter,  .38  ft.;  widti  at  each  .encl, ,13  ft.; 
depth; of  hull,  6  ft.  The  sides  are  circular,  being  struck  with  a 
68-ft.  radius  so  as  to  give  the  above  dimensions.  Draft  when 
working,  42  in. 

A  chain  of  24  buckets  and  24  links  is  mounted  on  a  ladder 
frame  48  ft,  long,  equipped  with  truss  rods  and  fittings,  rollers 
with  shafts  and  bearings,  top  and  bottom  tumblers,  device  for 
holding  bucket  chain,; and  hoisting  tackle  for  regulating  tlie  depth 
of  cut.  This  chain  of  buckets'  works  over  the  forwa,rd  end,  of 
the  boat,  and  slops  back  at  an  angle  of  45°  until  it  reaches  an 
elevation  of  abput  22  ft,  above  the  deck,  where  the  material  is 
discharged  into  a  hopper.  This:  chain  of  24  buckets,  each  having 
a  capacity  of  5  cu.  ft.,  makes  one  complete  revolution  in  1^4  min., 
discharging  4,44  cu.  yd.  .  per  revolution,  which  gives  the  dredge 
a  capacity  of,  213  cu.  yd.  per  hr.,  or  2,130  cu.  yd.  per  day  of 
10  hr. 

From  the  hopper,  which  is  loqated  15  ft.  above  the  center  of 
th,e  boat,  a  discharge  pipe  26  in,  in  diameter  and  80  ft.  long, 
suspended  by  a  set  of  tackle  attached  to  an  A-frame,  conducts  the 
material  that' is  dumped  into  the  hopper  to  the  place  of  deposit,  • 
which  is  usually  beyond  the  tow-path.  When  the  ma,terial  is 
thick  and  heavy,  a  stream  fjom  a  6-in.  pump  is  turned  into  the 
pipe  to  keep ,  it  flushed  out. 

The  dredge  is  equipped  with  a  10  x  14-in.  double  cylinder  en- 
gine making  140  revolutions  per  min,,  developing  40  hp.  The 
swinging  engines  are  double  cylinder,  8-in.  diameter  and  8-in. 
stroke.!.  The  boiler  is  of  marine  type,  40  hp.,  60  in.  in  diameter, 
17  ft.  long,  and  carries  a  pressure  of  90  lb.  For  flushing  the 
discharge  pipe  a  Gordon  Duplex,  steam  pump  is  used;  having  12-in. 
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steam  cylinders,  10-in.  plungers,  and  16-in.  stroke;  capacity,  Z2Q 
gal.  per  min. 

This  dredge,  when  in  operation,  revolves  about  a  center  spud, 
which  is  40  ft.  from  the  point  of  the  buckets,  thus  enabling  a  cut 
80  ft.  wide  to  be  made.  The  depth  of  the  cut  varies  from  3% 
to  10  ft.  below  the  surface  of  the  water. 

This  dredge  has  an  advantage  over  other  types,  as  it  cleans 
the  entire  width  of  the  canal  as  it  moves  forward,  and  deposits 
the  material  outside  of  the  canal  bank,  where  it  does  not  have 
to  be  handled  again.  The  canal  is  cleaned  with  a  single  cut, 
with  the  exception  of  a  few  places  where  two  cuts,  and  some- 
times three,  have  to  be  made  before  the  material  is  finally  de- 
posed outside  the  canal  bank.  This  method  is  a  little  slow,  but 
it  is  the  best  way  to  handle  the  work,  as  it  would  not  be  prac- 
ticable to  load  the  material  in  scows  and  tow  them  outside  of 
the  canal.  Above  Lock  A  (upper  division)  three  cuts  have  to 
be  made,  and  between  Locks  1  and  2  (lower  division)  three 
cuts  are  necessary.  Another  point  where  some  difficulty  is  ex- 
perienced in  operating  the  dredge  is  above  Lock  1,  where  the 
banks  are  too  high  for  the  discharge  pipe  to  rea!ch  over  them. 
To  dredge  this  part  of  the  canal  the  river  has  to  be  daught  at  a 
stage  .that  will,  allow  the  discharge  pipe  to  clear  the  bank. 

Tbe  crew  necessary  to  operate  the  dredge  consists  of  one 
dredge  runner,  one  engineman,  one  fireman,  one  spudman,  and 
two  linemen. 

The  hull  of  this  dredge  was  built  at  Chattanooga,  Tenn.,  by 
contract,  in  1891.  The  machinery  was  placed  on  the  hull  and 
floated  to  the  canal,  where  the  cabin  was  built  and  machinery 
installed.  The  total  cost  of  the  dredge  was  approximately  $20,- 
000.  The  hull  was  rebuilt  at  the  canal  by  hired  labor  in  1902 
and  1903,  at  a  cost  of  $10,000,  being  put  back  in  commission  in 
October,  1903.  The  dredge  has  been  operated  almost  continu- 
ously since  it  was  rebuilt.  A  new  hulj  will  have  to  be  built 
within  the  next  year  or  two,  also  a  complete  set  of  new  buckets 
and  links  will  be  required.  The  machinery  is.  in  good  condition 
and  will  outlast  another  hull. 

The  following  statement  gives  the  number  of  cu.  yd.  dredged 
with  cost  of  labor,  material,  and  field  repairs  since  tfie  dredge 
was  put  in  commission.  ^ 

Year  Ou.yd.  Per  cu.yd. 

1892    1....'. 27,210 

1893    38,964  ' 

1894     42,800 

1895    13,235 

1896    5,513 

127,722  $0,036 
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Year 

1897  . 

1898  . 

1899  . 

1900  , 

1901  . 

1902  . 

1903  . 

1904  . 

1905  . 

1906  . 

1907  . 

1908  . 

1909  . 

1910  . 
•1911  . 


Cvt  yd. 

Per  cu.  yd. 

61,550 

.039 

62,097 

.041 

39i375 

.036 

59,200 

.038 

18,093 

.144    '■■ 

,55,764 

031  ' 

38,123 

.028 

100,012 

.030 

105,490 

.031 

146,968 

.030 

111,337 

.023 

69,372 

.056 

117,777 

.046 

195,982 

.036 

87,731 

.036 

1,386,593       $0,036 

Total  cost  of  laber,  material  and  field  repairs $51,302 

Cost  of  rebuilding  hull  in  1902  and  1903 10,000 

Deterioration  of  plant 10,000 

Total  cost  of  dredging  since  1892 $71,302 

,*To  Jan.  1,  1911,  of  fiscal  year  ending  June  30,  1911. 

This  gives  for  the  unit  cost  of  dredging  1,386,593  cu.  yd.  of  ma- 
terial, 5.11  ct.  per  cu.  yd. 

Trestle  Filling  with  a  ladd&r  Dredge.  Engineering  News, 
Aug.  4,  1892,  gives  the  following:  Near  New  Orleans,  La.,  a 
railway  trestle  18  miles  long  and  7  to.  10  ft.  above  the  giround 
and  water  level,  was  filled  with  material  obtained  by  excavating  a 
canal  alongside  and  50  ft.  away.  A  bucket  elevator  dredge  with 
a  hull  40  ft.  wide,  40  ft.  long,  and  6  ft.  deep,  equipped  with  a 
96-ft.'  belt  conveyor,  was  employed.  This  machine  excavated  472,- 
934  cu.  yd.,  or  34,170  lin.  ft.  of  cut  6  ft.  deep  by  60  ft.  wide, 
from  Jan.  -1,  1891  to  April  30,  1892,  an  average  of  2,135  lin.  ft. 
or  29,558  cu.  yd.  per  month,  or  1,180  cu.  yd.  per  day,  measured 
in  cut.  A  10-hr.  day  was  worked,  but  passing  trains  reduced  the 
actual  working  time  to  7  hr.  per  day.  Many  sunketi  logs  and 
cypress  roots  were  encountered  and  material  retarded  the  work. 
The  dredge  required  a  crew  of  6  men.  Excavation  cost  about 
3  ct.  per  cu.  yd. 

It  is  interesting  to  note  that  in  this  material  the  original 
rubber  eonveyor  belt  was  still  in  service  after  having  conveyed 
473;000  cu.  yd.  

High  Cost  of  Dredging  at  Havana,  Cuba.  A.  H.  Weber,  in 
Engmeering  Recqrd,  Nov.  23,  1901,  gives  some  cost  data  of 
dredging  at  Havana.,  A  bucket-ladder  dredge  with  a  "capacity" 
of  1,000  cu.  yd.  in  ordinary  harbor  mud,  but  only  200  to  600 
cu.  yd.  in  hard  clay,  was  used.  In  addition  to  small  clamshell 
dredges,  of  the  Prestmann  type,  with  %-cu.  yd.  buoket;  and  "  ca- 
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pacity"  each  of  200  to  400  cu.  yd.  in  mud,  were  worked.     These 
machines  were  not  at  all  effective  in  hai'd  clay. 

Rock  and  very  hard  clay  were  encountered,  and  had  to  be 
blasted.  An  IngersoU  auto-feed  4%-in.  cylinder ,  drill  was  hung 
in  the  leads  of  a  floating  pile  driver.  This  machine  •  drilled 
through  a  -telescopic  tube  from  4  to  12  in.  in  diameter.  The 
charges  were-  loaded  in  the  holes  by  a  diver.  At  'first  10  holes 
spaced  5  ft.  apart  in  a  row  were  blasted  .to  the  requisite  depths 
of  12  to  16  ft.,  but  it  was  claimed  that  the  charges  injured 
adjacent  buildings.  The  holes  therefore,  were  drilled  only  6  to 
8  ft.  deep  and  charged  with  6  lb.  of  60%  dynamite  each.  The 
whole  area,  therefore,  was  removed  in  two  or  three  lifts.  The 
number  of  holes  drilled  wa,s  1,682,  and  5,600  lb.  of  dynamite  were 
used.  If  the  clay  was  allowed  to'  remain  undredged  after  being 
blasted,  it  would  become  hard  and  require  reblasting. 

The  total  amount  of  material  dredged  measured  47,970  cu.  yd. 
scow  measure,  of  which  about  10,500  cu.   yd.  were  stone.     The 
unit  cost  of  Stone  excavation  exceeded  that  of  the  clay  by  about 
75%.     The  total  cost  of  the  work  was  $35,734. 
'  '  Per  cu.  yd. 

.  /      ,  r  ,  ct. 

Dredging,  wages,  supplies  and  repairs  49.2 

Dredging,"  wages,  supplies  and  repairs  12.3 

Explosives : .  2.8 

Moving  scows  to  sea  3  milbs  7.6 

Office  operation  and  superintendent  2.6 

Total  per  cu.  yd. ' 74,5 

The  woi-k  was  done  by  day  labor  for  the  government. 

A  Ladder  Dredge  with  a  Belt  Conveyor  System.  In  Engineer- 
ing 'Sews,  Oct.  25,  1906,  I.  M.  Mann  gives  the;  following:  On 
the  Pox  River,  Wisconsin,  dredging  over  a  period  of  50  years 
by  dipper  and  clam-shell  dredges  had  formed  high  spoil  banks 
on  each  side  of  the  channel.  :  These  were  unsightly,  objectionable 
to  property  owners,  and  were  subject  to  erosion  by  the  current, 
necessitating  a  second  and  third  dredging  of  about  25%  of  the 
material.  To  overcome  this  objectionable  practice,  a  dredge  was 
designed  to  fulfill  the  following  conditions: 
'  '(1)  Ability  to  dig  all  materials  except  solid  rock  or  ;equal<]y 
hard  material; 

(2)  Ability  to  cut  full  width  of  channel  without  moving  the  ' 
dredge  sideways; 

(3)  Ability  to  convey  the  spoil  a  considerable  distance  with- 
out rehandling;  ^ 

(4)  Ability  to  obtain  the  greatest  possible  area  of  distribution 
of  spoil  and  to  deposit  either  side  of  the  channel  and,  in  _low 
places  or  scows; 


710      HANDBOOK  OF  EARTH  EXCAVATION 

(5)  Ability  to  carry  the  spoil  in  places  over  old  dredge  banks 
not  less  than  20  ft.  in  height  and  to  distribute  it  without. form- 
ing new  banks.  i 

These  conditions  were  fulfilled  by  the  "  conyeyor  dredge." 
This  plant  consists  of  a  dredge  with  two  intermediate  conveyor 
scows  and  one  delivery  scow.  The  delivery  scow  can  be  attached 
directly  to  the  dredge  if  desired.  The  dredge  is '  of  the  regular 
bucktet-elevator  type,  having  30  buckets  of  5  cu.  ft.  capacity  each, 
equipped  with  steel  cutting  teeth.  It  is  able  tos  dig  to  a  depth 
of  10  ft.  The  dredge  hull  is  of  fir,  75x31x6  ft,,  in  size.  :  It 
is  equipped  with  a  9  x  12-in.  and  a  6  x  6-in.  engine,  a  35-kw. 
electric  generator,  and  electric  motors..  Steam  ig;  supplied, by  a 
marine  boiler  10  ft.  long. 

The  intermediate,  scows  are  40  x  15  x  3  ft.  in  size,  and  :  each 
carries  a  belt  conveyor  32  in',  wide  and  65  ft.  long,  driven  by 
electric  motors.  The  delivery  scow  is  nearly  triangular  in  shape, 
being  31  ft.  long  and  16  ft.  wide  at  the  delivery ,  end.  It  is 
furnished  with  a  delivery  .belt  conveyor  supported*  by  a  derrick, 
and  overhanging  the  stern  by  about  40  ft.  The  delivery  end  of 
this  conveyor  can  be  raised  to  20  ft.  above  water  to  suit  the 
height  of  the  spoil  bank.     The  total  length  of  the  outfit  is  300  ft. 

The  dredge  -is  furnished  with  a  turning  spud  kt  tlje  stern 
amidships,  and  a  walking  spud  slightly  forward  and  to  starboard. 
It  is  .moored  to'  shore  anchors  by  bow  lines,  and  digs  in  a  circle 
of  about  80  ft.  radius,  covering  a  width  of  channel  of  145  ft. 
In  Operation  the  material  leaving  the  elevator  buckets  at  the 
top  of  the  ladder  passes  into  a  hopper,  thence  to  a,  belt  conveyor 
that  carries  it  to  the  stern  of  the  drtedge,  thence  to  another 
hopper,  and  finally,  by  the  various  conveyors  on  the  scows, 
to  the   shore.  j 

The  crew  consisted  in  1906  of  9  men.  The  cost  of  operation, 
including  fuel,  was  $30  per  day.  In  ordinary  digging  the  dredge 
excavated  400  cu.  yd.  per  hr.  in  a  trial  test,  and  in  very  tough 
clay  and  hard  pan  200  cu.  yd.  per  hr. 

Bucket-Ladder  Dredge  with  long  Chutes.  In  a  paper  in  the 
Proceedings  of  the  Institute  of  Civil  Engineers  {Gv^t  Britain), 
John  B.  Body  gives  a  description  of  the  drainage  of  the  Valley 
of  Mexico.  -His  paper  is  quoted,  in  Engineering  Record,  Aug. 
10,   1901. 

Part  of  the  work  was  excavated  by  Indiana,  who  carried  bas- 
kets on  their  heads,  and  part  by  a  grab-bucket  on  a  cableway. 
The  main  part  of  the  canal,  however,  was  dredged  ■  with  6 
"  couldir  "  or  long-ohute  dredge  of  the  bucket-ladder  type.  These 
machines  had  main  engines  of  150  hp.  One  of  these  dredges  was 
of  large  size   with  the  top   tumbler   of  the   bucket^adder  at  a 
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height  of  74.5  ft.,  while  the  other  four  had  top  tumblers  at  a 
height  of  56  ft.  The  material  was  discharged  from  the  bucket- 
ladder  on  to  the  chutes.  These  extended  165  ft.  from  the  center 
of  the  dredge  over  the  bank  of  the  canal.  Pumps,  d,i^cl^arging 
as  much  as  600  cu.  ft.  of  water  per  min.,  facilitated  the  passage 
of  the  dredged  material  through  these  chutps.  At  times  the 
material  was  discharged  as  far  as  185  ft.  from  the  center  of  the 
dredge. 

iThe  ladders  were  78  ft.  long,  and  the  buckets  had  capacities  of 
11  cu.  ft.  each.  In  very  sticky  soil,  hinged  bottoms  were  used 
on  the  buckets  with  exceptional  success.         ,(.  ,    .  ,, 

The  maxinium  ^epth  excavated  was  63.5  ift.  in  48  months, -and 
8v500,000  cu.  yd.  were  dredged.  The  best  output  of  a  single  dredge 
for  one  month,  working  day  and 'night,  in  soft  soil,  was  124,230 
cu.  yd.  In  hard  soil  a  fair  average  was  90  cu.  yd.  per  hr.  The 
most  suitable  face  against  which  to  work  was  6  ft.  in  height. 

Ladder  Dredge  and  Conveyor  on  N.  Y.  Barge  Canal.  [Engineer- 
mg  and  Contracting,  Sept.  7,  1910,  gives  the  following:  The 
dredge  was  started  on  July  30,  1909,  and  worked  4  months  of 
the  season  and  wafl  then  laid  up  for  the  winter,  as  the  canal  is 
drained  during  the  winter  season.     The  costs  given  are  for  these 

4  months'  work.  This  dredging  plant  differs  from  other  types 
in  that  the  excavated  material  is  carried  by  a  series  of  belt  con- 
veyors to  tie  spoil  bank.  The  dredge  itself  is  floated  on  two 
steel  pontoons  which  are  parallel  to  each  other  and  are  braced 
together  by  a  rigid  frame  work.  A  gantry  projects  out  in  front 
and  between  these  pontoons.  This  gantry  supports  the  "ladder" 
or  endless  chain  of  buckets,  which  extend,s  dowii  between  the 
pontoons  to  the  bottom  of  the  cahal.     The  buckets  move  down- 

K^ward  on   the  underside  of  the  ladder   and   come  up  loaded   and 
discharge   into  a  hopper   at   the   top.     The  buckets   are   each   of 

5  cu.  ft.  capacity.  From  the  hopper  at  the  top  of  the  ladder 
the  material  is  discharged  onto  a  belt  which  iii  turn  discharges 
into  a -second  hopper  and  second  belt  at  thej-ear  of  the  dredge 
which  projects  out  to  the  rear  of  the  machine.  A  third  belt  is 
carried  on  a  separate  pontoon.  It  runs  on  a  steel  cantilever 
framework  which  carries  the  belt  40  or  50  ft.  onto  the  canal 
bank.  The  pontoon  which  carries  this  belt  is  so  arranged  that 
it  can  be  turned  at  any  angle  and  still  have  its  receiving  hopper 
under  the  discharge  of  the  second  dredge  belt.  The  belts  are  each 
operated  by  a  separate  motor  receiving  power  from  the  dredge. 
The  dredge  plant  cost  $70,000.  The  plant  took  out  from  20,000 
to  32,000  cu.  yd.  per, month  during  the  first  few  months  it  was 
in  operation  in  1909v  working  three  8-hr.  shifts  per  day. 

The  chief  difficulty,  jcoet  witi.  in  the  first,  paxt  of  the  work  was 


712      HANDBOOK  OP  EARTH  EXCAVATION 

holding  the  soft  material  in  embankment.  At  first  very  heavy 
wooden  forms  were  built  to  hold  up  the  embankment  to  its  full 
height.  These  proved  very  expensive  and  inefficient;  they  gave 
way  in  places  and  the  soft  material,  which  flowed  out  over  the 
adjacent  land,  had  to  be  scraped  back.  The  plan  now  adopted 
is  to  build  dikes  of  sod  and  earth  about  4  ft.  high  along  the 
outside  edge  of  the  embankment.  The  material  is  then-  deposited 
by  the  dredge  within  the  dikes,  the  dredge  moving  along  as 
soon  as  the  material  reaches  the  top  of  the  dikes.  When  the 
material  deposited  has  dried' out  sufficiently,  a  second  series  of 
dikes  is  built  on  top  of  the  first  and  the  dredge  moved  back  to 
fill  again. 

The  cost  of  the  work  for  one  season  is  given  by  months  as 
follows :       1 

August,  1909;  18,638  cu.  yd.  excavated: 

Coal  and  oil  $1,984.50 

15  tons  coal  for  hoisting  engine  at  $2.85   7 42.75 

Misc.  supplies  fpr  hoisting  engine  5.25 

Misc.  supplies  for  hoisting  engine  and  derrick 6.48 

Hauling   supplies    54.00 

Crew  of  dredge  , 2,296.68 

Total  cost $4,389.66 

Cost  per  cu.  yd.  (ct.)  - 23,6 

Drains  and  scrapers  supplemented  tlie  dredge  moving  6,244  yd. 
for  a  total  of  $1,280.50  or  20.5  ct.  per  cu.  yd.  The' cost  of 
wooden  forms  and  of  spreading  ,  and  compacting  amounted  to 
$1,193  for  10,015  cu.  yd.  of  embankment  or  11.9  ct.  per  cu.  yd. 

September,  MOO;  32,000  cu.  yd.  excavated: 

Interest,  depreciation  and  repairs  $2,205.00 

180  tons  at  (2  tons  per  shift)   513iOO,  ., 

150  gal.  gasoline  at  12  ct 48.00 

Oil  (80  gal.  at  19  ct. ;  60  gal.  at  35  ct.)   36.20 

1,200  lb.  grease  at  8  ct - 96.00 

200  lb.  waste  at  8  ct -. 16.00 

Teams    : 245.00 

•Labor     ., 2,827J0 

Total   cost    $5,966.20 

Cost  per  cu.  yd.   (ct.)    18.6 

A  total  of  90  (8-hr)  shifts  were  worked.  The  cost  of  the  em- 
l-aiikment' was  as  follows:!, 

Labor  spreading  a^d  compacting  $3,15i.50 

Hauling  form   lumber    "       177.16 " 

Cost  form  lumber   1,125.00 

General     290.00 

Labor  on   forms    828.32 

Hauling   supplies    55.00 

Tptftl 1 $5,626.98 
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Only  11,000  cu.  yd.  were  allowed  for  the  above  work  on  em- 
bankment as  the  forms  gave  way  and  the  soft  material  had  to 
be  scraped  back.  This  brought  tlie  cost  of  embankment  for 
the  month  up  to  51.1  ct.  per  yd. 

October,  1909;   25,500  cu.  yd.  excavated: 

Interest  and  depreciation    $2,351 66 

186  tons  coal  at  $2,85   530.10 

Labor     3,145.58 

Teams    5.00 

Oil,  grease  and  waste  153.09- 

Gasoline     18.60 

Repairs     18.90 

Total  cost    $6,222.93 

Cost  per  cii.  yd.   (ct:) 24.4 

A  total  of  93  (8-hr.)  shifts  were  worked.  The  cost  of  em- 
bankments was  as  follows : 

Labor  spreading  and  compacting  ^2,898.25 

Forms 567.50 

Erection ^  - 108.50 

Hauling    : 95.00 

Total     $3,669.25 

This  gives  for  21,800  cu.  yd.  of  embankment  a  cost  of  16.9  ct. 
per  cu.  yd. 

Thomas  J.  Morrison  objected  that  the  cost  shown  for  embank- 
ment in  the  foregoing  paragraph  was  deceptive.  It  should  be 
accompanied  by  an  explanation,  showing  why  it  was  so  high. 
The.  embankment  forms  to  hold  the  dredge  material  were  very 
expensive,  and  the  cost  was  charged  up  to  the  embankment  on 
,wh,jjch  they  were  built.  Under  the  specifiqations,  the-  embank- 
ment, pould  not  be  estimated  as  paid  for  until  finished;  and  the 
paid  embankment  was  therefore  only  a  small  part  of  the  exca- 
vations among  which  costs  are  given.  For  instance  in  November, 
th&  excavation  was  20,560  cu.  yd.,  of  which,  only  513  cu.  yd. 
were  paid  for  in  embankment.  As, a  matter  of  fact,  practically 
all  of  the  material  was  placed  into  embankment  that  was  not 
trimmed  up,  and,  was,  therefore,  not  estimated.  During  the 
month  following,  all  these  unfinished  embankments  were  dredged 
out  at  a  cost  of  only  a  few  cents  per  cu.  yd.,  so  that  in  the>  cost 
of  forming  embankments  disiiributed  over  the  entire  work,  in- 
stead of  being  separated  into  months'  was  qilite  low.  The  cost 
for  November  was  as  follows:  A  total  of  45  (8-hr.)  shifts  were 
worked;  and  20,516  cu.  yd.  were  excavated  at  the  following  cost. 

Interest  and  depreciation   $1,102.50 

Coal,  90  tons   @   $2.85  256.50 

Labor 1,437.80 

Teams 00.00 
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Oil,  grease  and  waste  ^ ?     83.07',i''i 

Gasoline    , 9-00 

Repairs     94.50 

Total     $3,383.37 ' 

This  gives  a  cost  for  excavation  of  16.5  ct.  per  yd.  Labor  on 
embankment  was  practically  all  for  building  dilces  and  cost 
$782.50".  The  number  of  cu.  yd.  fox  embanRment  estimated  dur- 
ing themonth  was  only  513,  giving  the  cost  per  cu.  yd.  of  $1.52. 

A  Record  for  Ladder  Dredges.  Engineering  and  Contracting, 
Jan.  18,  1911,  reports  that  the  Marmot  of  the  Pacific  Division, 
Panama  Canal,  a  ladder  dredge,  broke  all  records  for  the  daily, 
weekly  and  monthly  output  of  ladder  dredges  in  the  Canal  service 
during  December.  The  output  for  the  month  was  219,795  cu.  yd.; 
for  the  best  week  of  6  working  days,  47,693  cu.  yd.;  and  for  the 
best  day  (Dec.  14),  8,569  cu.  yd.  The  outpiit  for  the  besti  10-day 
period,  during  the  month  was  77,838  cu.  yd.,  or  an  average  of 
7,783  cu.  yd.  a  day;  for  a  25-day  period,  183,163  cu.  yd.  The 
average  per  working  day  over  the  whole  month  was  7,326  cu.  yd. 
The  above  figures  are  based  upon  place  measurement.  The 
dredge  was  working  the  entire  month  in  the  approach  channel  to 
the,  site  ,qf  the  new  docks  \at  the  Pacific  entrance  to  the  Canal, 
excavating  earth  to  a  depth  6f'31  ft.  below  low  tide.  The  crew 
set  deliberately  to  work  on  Dee.  1  to  exceed  all  previous  records, 
and  by  request  of  the  men  themselves,  the  dredge  was  kept  at 
work  every  day  in  the  month,  excepting  Christmas  day.  All  the 
dredges  work  night  and  day.  The  best;  previous  record  for  old 
French  ladder  dredges  was  made  by  the  Atlantic  Division  dredge, 
No.  5,  in  July,  1909,  which  excavated  176,082  cu.  yd. 

Elevator  Di;edge  Work  on  Sunnyside  Irrigation  Canal.  In  a 
long  paper  by  Moritz  and  H.  W.  Elder,  in  Engineering  and  Con- 
tracting, Sept.  11,  1912,  the  description  and,  cost  of  elevator 
dredge  work  on  the  enlargement  and  improvement  of  the  Main 
Canal  of  Sunnyside  Yakima  Project  at  Washington,  is  given. 
A  floating  dredge  was  used  upon  the  first  21  miles.  As  the 
concrete  lock  structures,  of  which  there  were  about  18,  had  a 
clearance  of  only  32  ft.  between  the  walls,  and  as  the  dredge  had 
to  pass  through  these,  the  hull  could  be  only  about  30  ft.  wide. 
This  reduced  the  stability  of  the  machine  considerably.  It  would 
have  been  much  easier  to  handle  if  it  had  had  a  widef  hull. 
The  machine  used  was  a  3.5  cu.  ft.  steam  driven  continuous 
bucket,  elevator  type,  with  an  82  x  30  x  6.5-ft.  hull,  drawing  5 
ft.  of  water.  The  steam  was  furnished  by  two  BO-hp.  locomotive 
type  boilers,  44-in.  by  18-ft.  The  main  drive  and  ladder  hoist 
was  driven  by  a  70-lip.,  8  x  12-in.  double  horizontal  engine. 
Machinery  for  spuds  and  for  swinging  was  driven  by  a  2  cylinder, 
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20-hp.,  6  by  6-iii.  double  horizontal  engine.  The  conveyers  were 
driven  by  two  18-hp.,  7  by  10-in.  single  cylinder  hol-izontal  engines. 
A  no.  1  hydraulicgiant,  supplied  by  a  2-stage,  6-in.  centrifugal 
pump,  belted  to  an  80-hp.,  10  by  12-in.  single  cylinder  upright 
engine,  was  mounted  in  the  bow,  to  remove  the  bank  beyond  the 
reach  of  the  bucket  above  the  water  level.  The  conveyors  were 
72  ft.  long  and  had  32-in.  rubber  conveyor  belts,.  This  machine 
was  operated  from  Dec.  4,  1909,  to  Oct.  1,  1911,  and  removed  921,- 
000  cu.  yd,  of  material.. 

Had  the  running  water  been  of  sufficient  depth  at  all  times  in 
the  canal,  much  unnecessary  excavation  would  have  been  saved  ;^ 
for  the  machine  excavated  in'  some  cases  4  ft.  below  grade,  in 


Fig.  8.     Bucket  Elevator  Dredge,  Sunnyside  Canal. 

order  to  have  sufficient.water  to  float.  A  great  deal  of  diffi- 
culty was  encountered  in  disposing  of  excavated  inaterial.  So 
much  water  was  carried  over  with  the  earth  and  gravel,  that  a 
■  mud  was  formed,  which  ran  out  into  the  adjoining  field  orchard, 
covering  the  original  ground  to  a  depth  of  several  feet.  Bulk- 
heads hail  been  built  in  an  attempt  to  hold  the  material.  This 
was  found  very  expensive,  so  finally  %-in.  holes  were  bored  in 
each  bucket,  to  allow  the  water  which  was  picked  up  with  the 
dirt  to  escape.  This  accomplished  a  great  deal  towai'd  retain- 
ing the -material  on  the  rightpof-way, 

The  statement  of  cost  given  below  requires  some  explanation. 
The  labor  cost  is  low.  The  high  cost  charge  to  the  item  spoil 
bank  is  due  to  the  fact  that  much  of  the  material  was  deposited 
in  the  form  of  muck  that  ran  over  valuable  farm  land;  and 
had  to  be  hauled  back  when  dry,  unless  it  had  been  retained  by 
the  expensive  bulkhead  along  the  right-of-way.  Another  reason 
for  the  high  cost  of  this  item,  is  that  much  of  the  material  was 


716 


HANDBOOK  OF  EARTH:  EXCAVATION 


deposited  in  high  mounds,  which  had  to  be'  graded '  down  to 
perniit  ditch  riders  to  travel  over^the  levee.  The  higb  cost  of 
maintenance  was  due  to  the  fact  that  much  adjusting  and 
many  changes  had  to  be  made  to  adapt  the  machine  to  local  con- 
ditions. The  depreciation  item  includes  the  entire  cOst,  of  the 
machine  ($41,400), charging  it  against  the  total  yardage.  Every- 
thing except  the  hull  should  have  considerable  salvage  value, 
which  will  go  toward  reducing  the  cost.  Fuel  had  to  be  hauled 
about  3  miles  across  open  country  or  over  roads  that  were 
very  rough. 


Bulktvaei  Line 
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Mg.  9.     Typical  Sections  Excavated  by  Elevator  Dredge. 


The  most  gratifying  result  of  this  work  was  the  solidi  lower 
bank  produced  by  the  saturated,  -  material  discharged  by  the 
dredge,  and'  the  substantial  roadway  over  it.  The  cost  of  920,- 
723  cu.  yd.  was: 

Per  cu.  yd. 

Labor,    dredge    $0.0:9 

Labor,  spoil  banks   0.034' 

Fuel'..;.'..... : ;...     0,036      ., 

Plant  maintenance    0.057 

Plant   depreciation 0.045 

Total  per  cu.  yd. $0,201 

I  Miscellaneous.  Maximum  excavation  per  8-hr.  shift,  1,429  cu. 
yd.;  maximum  excavation  for  one  week,  17,644  cu.  yd.  (three 
shifts)  !  average  excavation  per  8-hr.  shift,  557.9  cu.  yd.;  average 
excavation  actual  working  hr.,  128.7  cu.  yd.;  per  cent,  of  lost 
_time,  49;  made  up  as  follows:  moving,  10%;  repairs' and  miscel- 
laneous, 39%. 

Force  and  Wages.  An  operating  force  consisted  of  8  men  and 
4  horses.  , 
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Wages  paid  were:  Operator,  $5.00;  engineer,  $4.67;  spudman, 
$3.83;  fireman,  $3.33;  oiler,  $3.0^;  deckman,  $2.50;  man  and 
team,  $4.50. 

Gold  Dredging.  In  the  bibliography  at  the  end  of  this  chapter 
will  be  found  many  references  to  articles  on  gold  dredging.  The 
elevator  dredge  is  used  almost  exclusively  for  this  class  of  work, 
so  that  any  one  who  desires  all  the  information  available  on  this 
type  of  dredge  should  study  the  articles  on  gold  dredging.  Partly 
because  these  machines  are  too  highly  specialized  to  be  of  direct 
interest  to  the  average  earth  excavator  and  partly  because 
elimination  in  an  almost  endless  field  of  information,  is  necessary, 
gold  dredging  will  not  be  discussed  in  this  volume. 

Operating  Cost  of  a  Hydraulic  Dredge.  J.  M.  Allen,  in  En- 
gineering News,  Oct.  29,  1914,  gives  the  following:  The  tabula- 
tion gives  the  typical  operating  costs  of  a  15-in.  hydraulic  dredge 
on  the  Mississippi  River,  in  1914,  working  two  12-hr.  shifts. 
Wages  do  not  include  subsistence.  Assuming  an  output  of  75,000 
cu.  yd.  per  month,  the  cost, is  about  6  ct.  per  yd. 

1  foteman      ^ $    150 

1  engineman    125 

1  engineman 100 

2  suction  operators,  at  $100  200 

2  oilers,  at  J60   ...,-. 120 

2  firemen,   at  $70    140 

2  coal  passers,  at  $60  120 

3  deck  hands,  at  $60 180 

1  levee  foreman    (day)    .: 90 

-  1  levee   foreman    (night) 70 

10  levee  laborers,  at  $60  600 

26       Total  labor  cost  per  month  $1,895^ 

Coal  (IS  tons  per  day) 1,200 

Supplies  (rope,  oil,  packing)*  . .  j 150 

Repairs  and  renewals 200 

Office  and  over  head  expenses  ; 200 

Insurance  (fire  and  liability)    100 

Interest  and  depreciation  (2%  on  $35,000)   700 

Total  operating  cost  per  month  $4,445 

Hydraulic  or  Suction  Dredges.  There  are  four  general  classes 
of  this  type  of, dredge:  (1)  The  seagoing  hopper  typo  without 
anchorage;  (2)  the  lateral  feeding  type,  with  5  or  0  mooring 
lines  to  anchors,  for  use  in  wide  channels;  (3)  the  forwardfeed- 
ing  type  with  one  or  two  forward  mooring  lines  to  anchors;  (4)~ 
the  radial  feeding  type  with  spud  anchorage.  Hydraulic  dredges 
may  also  be  classed  thus:  (1)  Plain  suction  pipe  dredges;  (2) 
with  water  jet  agitators;  (3)  with  mechanical  Agitators  or  cut- 
ters. Cutters  are  generally  necessary  for  material  other  than 
sand. 

The  forward  feeding   type  of   dredge   is   adapted   to   work   in 
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shallow  alluvial  rivers  such  as  the  Mississippi^  and  for  this 
reason  it  is  often  called  the  Mississippi  type  dredge.  Almost  all 
of  the  work  on  the  Mississippi  River  is  done  by  the  government. 
The  Alpha  was  the  first  dredge  of  this  type  built  for  the  Missis- 
sippi ^iver  Commission.  This  was  followed  by  the  Beta  and 
Gamma. 

The  radial  feeding  type  of  siiction  dredge  'is  usually  anchored 
by  one  or  more  spuds,  the  suction  pipe  making  a  radial  cut  on 
the  arc  of  a  circle  about  the  spud  as  a  center.  This  is  the  com- 
mon type  of  dreige  for  general  work. 

The  seagoing  type  is  confined  to  harbor  work,  and  the  forward 
feeding  type  is  used  on  alL.vial  rivers. 

The  Floating  Pipe  Line.  The  pipe  line  of  a  dredge  ia  generally 
built  of  thin  sheet  steel.  ;  Almost  any  kind  of  floats  are  used 
in  quiet  waters.  In  exposed  situations  the  pipe  and  floats  are 
built  of  heavy  material,  solidly  constructed.  A  water  velocity 
of  7  ft.  per  sec.  in  clay  or  mud,  or  of  10  ity  in  sand  generally 
gives  good  results.  .For  moderate  dj stances  velocities  of  ,12  to 
16  ft.  per  sec.  are  sometimes  employed.  The  percentage  of  solids 
varies  up  to  75%.  It  is  less  difficult  to  transport -a  large  per- 
centage-of  solid  material  after  it  haa_  entered  the  pipe  line  than 
to  introduce  it  into  the  pipe  without  choking  the  pump.  At 
Oakland,  California,  a  dredge  belonging  to  the  Atlanic  Gulf  and 
Pacific  Company  delivered;  material  through  6,170  ft.  of  20-in. 
pipe.  Other  dredges  built  by  this  company  for  the  Baltimore 
Water  Works  p:mped  through  pipe  lines  10,800  ft.  long,  lout  part 
of  this  line  was  down  grade  giving  a  10  ft.  negative  ahead. 

The  Output  and  Cost  of  Operation.  This  varies  widely.  In 
the  centrifugal  type  the  construction  of  the  dredge  itself  has  a 
large  influence  upon  the  cost  of  operation  and  repairs.  The  type 
of  pump  selected  is  particularly  important.  The  side  suction 
type  gives  an  easier  passage  through  the  larger  benda  and  is 
therefore  generally  preferred,  but  the  double  suction  type  of 
pump  avoids  side  thrust.  The  shape  of  the  pump  and"  vanes  also 
has  a  material  eflFect  upon  its  wearing  qualities.  A  badly  de- 
signed pump,  especially  when  excavating  sharp  sand,(  will  wear 
out  in  a  very  short  time.  The  mooring  and  dredging  moving 
eq-  ipment,  and  the  digging,  cutting,  or  agitating  appliances  are 
also  of  the  greatest  importance. 

Robert  A.  Cummings,  in  Transactions  American,  Society  of 
Civil  Engineers,  \o\.  T31,  1894,  states  that  with  centrifugal  pumps 
for  silt  and  alluvial  jdepoBit  30  to  40%  of  solids,  and  for  coarse 
gravel  and  fine  sand;  10%  of  solids  is  the  best  proportion  of  the 
volume  pumped. 

It  is  stated  in  Engineering  News,  Dec.  15,  1898,  that  with  the 
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12-in.  dredge  the  discharged  material  ordinarily  consisted  of  about 
10%  of  solid  matter.  At  times,  however,  the  1,000  ft.  of  dis- 
charge pipe  would'  start  to  clog  up,  but  by  increasing  the  speed  of 
the  pump  the-  material  was  forced  out  in  a  nearly  solid  mass 
that  would  bre^k  off  in  lengths  of  15  to  18  in. 

The  water  in  which  the  dredge  worked  was  furnished  from  a 
source  1,700  ft.  distant  by  a  12-in.  pump  through  a  6-in.  dis- 
charge pipe.  The  soil  was  clay  naturally  wet  and  soft  because 
of  seepage  water  and  therefore  unfavorable  to  dry  excavation 
methods,  but  decidedly  favorable  to  hydraulic  dredge  work. 

Depth  at  Which  Suction  Dredges  Can  Work.  The  Engineer- 
ing and  MinAng  Journal,  Nov.  7,  1914,  describes  a  dredge  made 
for  the  Calumet  and  Heckla  Mining  Co.  for  use  in  working  over 
stamp  mill  tailings  in  Torch  Lake,  Mich.!  This  dredge  is  equipped 
with  two  20-in.  centrifugal  pumps,  one  driven  by  a  750-hp.  motor, 
and  the  other  by  a  1,250-hp.  motor.  Previous  to  the  construction' 
of  this  dredge  the  greatest  depth  attained  by  suction  dredge  was 
70  ft.,  which  depth  has  been  reached  by  the  sand  suckers  work- 
ing in  Long  Island  Sound.  The  Calumet  and  Heckla  dredge  is 
intended  to  dig  to  a  depth  of  100  ft. 

Dredging;  in  Mobile  Harbor,  Alabama.  Engineering  and  Con- 
tracting, Mar.  20,'  1012,  gives  the  following!  Three  types  of 
dredges  have  beeii  employed  in  improving  aiid  deepening^  the 
ship  channels  in  and  about  Mobile  Harbor.  These  are  the  clam 
shell,  the  seagoing  suction  and  the  hydraulic  pipe  line.  In  an 
article  in  Professional  Memoirs  for  March-April,  1912,  Assistant 
Engineer  J.  M.  Pratt  describes  the  work  of  these  dredges. '*A 
comparison  of  output  and  cost  is  made  between  a  clam  shell  and 
a  hydraulic  dredge.  Records  of  work  are  given  of  one  seagoing 
hopper  dredge  and  three  hydraulic  pipe  line  dredges,  including 
costs  and  statement  of  delays.  Structural  defects  and  advantages 
of  the  dredges  are  specified. 

Comparison  of  Clam  Shell  and  Pipe  Line  Dredge.  The  Mobile 
Harbor  dredged  channel  extends  from  Chickasaw  Cre^k,  4.8  mileS 
above  the  mouth  of  Mobile  River,  to  deep  water  in  the  lower 
portion  of  Mobile  Bay,  a  total  distance  of  3.3%  miles.  The  ma- 
terial along  the  upper  six  miles  of  this  channel  consists  prin- 
cipally of  sand  and  clay  with  some  mud.  Along  the  next  eleven 
miles  it  is  mud  and  sand  with  strata  of  shells  at  the  lower  por- 
tion. The  material  along  the  remainder  of  the  channel  is  coifl- 
posed  of  a  soft  blue  mud  having  a  specific  gravity,  as  it  lies 
on  the  bottom,  of  about  1.36.  From  the  head  of  the  channel  in 
Mobile  River  to  a  point  ten  miles  below,  the  dredged  material 
either  has  to  be  deposited  on  shore  or  towed  several  miles  in 
scows,  because  the  water  on  the  edges  of  the  channel  is  too  Shoal 
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for  loaded  scows  to  get  out.  A  dredge  would  be  protected  from 
storms,  unless  of  unusual  severity,  while  working  in  the  channel 
in  Mobile  River,  and  be  better  protected  while  working  in  the 
upper  portion  of  Mobile  Bay  than  in  the  lower  .portion,  thus 
making  delays  in  dredging  on  account  of  weather  conditions  much 
less  in  the  upper  than  in  the  lower  bay  and  reducing  them  to 
a  minimum  in '  the  river.  All  of  these  considerations  make  it 
difficult  to  form  a  comparison  between  two  dredges  working  in 
this  channel,  unless  engaged  near  the  same  locality  at  the  same 
time.  However,  a  fairly  good  comparison  may  be  obtained  of  a 
clam  shell  and  a  hydraulic  pipe  line  dredge  by  taking  the  records 
made  in  1909  by  the  clam  shell  dredge  A  and  the  hydraulic 
dredge  B,  both  belonging  to  contractors  and  working  under  the 
same  contract  a  few  .miles  apart  in  middle  and  lower  Mobile 
Bay.  The  yardage  dredged  represents  the  amount  excavated  from 
the  theoretical  section  in  either  case,  or  the  amount  paid  for 
and  not  the  total  amount  removed.  The  time  extends  from  April 
1  to  July  12,  the  hydraulic  dredge  working  two  days  longer  in. 
July  than  the  clam  shell,  which  discontinued  work  on  the  10th. 
The  material  in  each  case  was  mud,  although  that  obtained  by 
dredge  A  was  much  softer  and  more  easily  handled  than  where 
the  hydraulic  dredge  was  working  during  April  and  May.  In 
June  this  dredge  reached  a  point  near  where  dredge  A.  had  been 
working,  and  her  results  were  largely  increased.  These  dredges 
are  both  representative  of  their  respective  types  and  the  material 
was  deposited  by  each  about  1,^00  to  1,500  ft.  from  the  channel. 
Dnedge  A  has  an  8J,^tCU.  yd.  clam  shell  bucket  and  dredge  B  has  a 
20-in.  centrifugal  pump  with  a  22-in.  suction  and  20-in.  diameter 
discharge.  The  following  table  shows  the  amount  dredged  per 
month  and  the  delays  to  each  dredge. 

Time  lost 

Month  Cu.  yd.  "  Hr. 
Dredge  A. 

April  1  to  30    208,922  157 

May   1  to  31    195,231  179 

June  1  to  30   155,016  173 

July   1   to  10 70,567  56 

Total    629,736  565 

Dredge  B. 

April  1  to  30 226,294  lU 

May  1  to  31    244,350  161 

June  1  to  30  410,821  67 

July  1  to  12  142,576  44 

Total     1,024,041  386 

The  time  lost  in  each  case  does  not  include  Sundays  or  legal 
holidays,  but  is  a  portion  of  the  total  effective  working  time. 
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This  work  was  done  at  a  contract  price  of  9.95  ct.  per  cu.  yd., 
but  during  the  last  two  contracts  work  has  been  done  at  this 
locality  for  a  little  less  than  6  ct.  per  cu.  yd.  Figuring  on  thia 
basis  and  estimating  the  value  of  each  outfit  to  be:  $75,000  for 
dredge  A  and  attendant  plant,  and.  $125,000  for  dredge^  B  and 
attendant  plant,  the  value  of  each  in  earning  power  is  as  follows: 

,  Dredge  A 

629,736  cu.  yd.  dredged,  at  6  ct.   .... , $37,784 

Interest  on  $75,000  for  3%  months,  at  6% %  1,250      ' 

Depreciation  at  10%  per  annum,  tor  3^^  months 2,083 

Cost  of  operating  dredge,  3^^  months  , 14,300 

'       '     '■ 17,633 

Amount  earned   $20,151 

Dredge  B 

1,024,041  cu.  yd.  dredged,  at  6  ct -  $61,442 

Interest  on  $125,000  for  S\i  months  at  6%  $  2,083 

Depreciation  at  10%  per  annum,  for  3^/^  months   3,472 

Cost  of  operating  dredge,  31/^  months   28,333 

;      33,888 

Amouht  earned,  $27,554 

Thus,  in  a  little  over  thfee  months,  the  hydraulic  dredge  earned 
about  $7j500  more  than  the  clam  shell  dredge,  though  the  latter 
was  one  of  the  best  ever  seen  in  this  district.  The  hydraulic 
dredge  experienced  fewer  -delays  in  general,  and  could  work  as 
long  during  rough  weather  as  the  clam  shell  dredge,  the  latter, 
of  course,  having  to  quit  work  when  it  became  too  rough  to  land 
scows  alongside. 

Mr.  Pratt  describes  an  interesting  expedieint  resorted  to  to 
remedy  a  difficulty  encountered  with  the  Seagoing  Hopper  Dredge 
Charleston  which  decreased  its  output  in  very  soft  mud.  -  It  was 
found  that  when  the  drag  was  lowered  below  the  surface  of  the 
material  that  it  buried  in  the  mud,  the  pipe  would  continually 
choke,  and  the  drag  would  then  have  to  be  lifted  in  order  to  ad- 
mit sufficient  water  to  ^olear  it.  This,  of  course, '  would  put  a 
great  deal  of  water  in  the  bins  which  could  not  be  disposed  of, 
and  simply  decreased  the  amount  of  material  carried  at  each 
load.  If  the  drag  were  kept  near  enough  to  the  surface  of  the 
material  to  prevent  choking,  a  large  percentage  of  water  was 
admitted,  and  the  result  was  practically  the  same.  The  only 
way  then  to  obtain  a  maximum  amount  of  material  in  the  short- 
est time  was  to  bury  the  drag  below  the  surface  of  the  ma-' 
terial,  move  slowly  along  the  cut  as  before,  and  admit  just 
enough  water  in  the  drag  to  pump  the  material  without  choking 
it  or  having  to  raise  the  drag.  This  was  accomplished  by  cut- 
ting a  hole  in  the  top  of  the  drag  and  fastening  thereon  a 
pipe   (Fig.   12),  5%  in.  in  diameter  and   12  ft.   long,  which  ex- 
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tended  up  the  outside  of  the  main  suction  pipe  and  was  fastened 
thereto.  A  valve  vi'as  placed  in  the  upper  end  of  this  5%tin. 
pipe,  as  this  was  always  above  the  surface  of  the  material  on  the 
bottom,  and  just  enough  water  admitted  to  enable  the  pump  to 
work  properly.  When  shifting  the  dredge  from  this  locality  to 
the  other  bar,  this  pipe  was  removed  and  a  steel  plate  put  in  its 
place,  filling  up  the  hole  in  the  drag.  The  value  of  this  pipe  to 
the  dredge  when  working  in  very  soft  material  may  be  seen  from 
the  fact  that  before  installing  this  pipe  the  average  time  required 
to  load.  200  cu.  yd.  was  49  min.,  and  after  the  installation  only 
25  min.  were  required. 
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Fig.    12.     Improved   Suction   Pipe   for   Seagoing  Hopper  Dredge 
■Charleston. 

Dredging  Ocean  Bars.  The  following  data  relative  to  work 
done  at  various  harbors  by  three  government  dredges,  have  been 
abstracted  from  a  paper  by  Major  J.  C.  Sanford  in  Trwnsactions 
American  Society  of  Civil  TSngineers,  vol.  54,  part  C,  'l905. 

The  following  are  monthly  reports  for  July,  1904,'  of  the 
Gedney,  working  at  New  York  Harbor ;  the  Gen.  C.  B.  Comstock, 
working  at  Galveston,  Tex.,  and  the  Sabine  working  on  the  bar 
outside  the  mouth  of  South  Pass,  Mississippi  River.  These  may 
be  taken  as  typical  of  the  work  of  the  older  and  smaller  class 
of  dredges  under  rather  favorable  conditions. 


DREDGE  GEDNEY 
Location  of  work,  north  side  of  Gedney  Channel,  New  York  harbor 

Depth  of  water  (survey  of  Jan.,  1904)   27  to  30  ft'  M.  i,  W. 

Depth  required    ' ; 30  ft.  M.  L.  W. 

Range  of  tide   , 4.6  ft^ 

Material  dredged  Sand  and  gravel  in  varying  proportions 

Cubic  yards  removed    53,193 

Loads 88 
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Yards  carried  per  load,   average 

dredged  per  minute,  average  '"       isn 

Ti?«^.^d|mg .^ ::::::::.;,-59ir:i4mi^ 

turnmg-  .-..■.. ^ ,  2    '•:  37     " 

running  to  dumping  ground   '*'"', 53    ''    48     " 

Average  speed,  loaded   '.'.'.'.'.■.■.■"■  5  4  knots 

Time  *  running  irom!  dump  to  working  ground   , 32  hr    11  min 

„  ",    .,     "  "        "   anchorage 18    "■  24'r..  V 

„  „  „  ''        "wharf ...;,...!..    18    "    02     " 

„  ,,  anchorage  to  working  ground  12    "    69     " 

,,  j^  "       wharf  to  working  ground   ....;..;. 12    "    29      " 

'anchorage  to  anchorage ■...-. .> 1    "    12.    " 

lost  repairing  (whila  under,  steam) ,.      1,"    06      " 

lost  from  other  causes  (while  under  steam)   05      " 

■     dumping    .........;.:.... .: , U    ..    45     .. 

Average  time  dumping  per  load  > 8  min 

Total  time  under  steam   -'  223  hr   47  min 

Average   speed,    light : , . .  .V  :";V.V 6.9  knots 

"      (to  and  from  wharf)   7.4      " 

Approximate  speed   while  dredging   ...;..  15      " 

Time  lost  due' to  fog  . .. .i.i..;;.. ...:......."...,.    i-%  flays 

"^      "        "      "    rough  sea    ..............'.*.'      %?    '• 

'        "        "      *'    repairs    .'     g^  '   " 

I'       "        "      "    coaling   ship 2%      " 

"      ' '*      "    other    causes    .....,..., .1^      '* 

'*      actually    working    .....* 19^      "' 

Distance  from  working  grounds  to  dumping  grounds,  mean. 3.3  nautical  miles 

Coal  burned .  (pea  coal) 207  long  tons 

Water   used 35,300  gal. 

Average  cost  of  dredging  per  ou.  yd.  (based  on  actual  cost  of  coal, 
water,  rent  of  wharf,  wages  of  crew,  aind  mess  bills,  and  on  aver- 
age of  ten  years'  cost,  per  working  day,  of  repairs  and  supplies).    5.9  ct. 

DEBDGfB  GEN.  C:  B.  COMSTOCK 

Quantity  of  material  dredged  , 67,476  cu.\yd. 

Character   of.  material  dredged' Sand,   mud  and  clay 

Distribution  of  working  time: 

Anchorage  to   cut    9  hr.  55  min. 

Pumping    147  "    29  " 

:     ,,,      Out  to  dump   , 33  "35  " 

"Dumping     ...;....- .'....'-'    S  '*  i  10  " 

'       Dump  to  cut    , ,..ir...  ,25.  "    27  " 

Dump  to  anchorage   10  '"    10  " 

Time  lost  turning ,.  0  *'    00'     " 

Total  hours  worked :•:••■    234  hr.  46  min. 

Time   lost  on   account  of  bad  weather,    Sundays   and  holidays,  virash- 

Ing  out  .boilers  and  repairs   220  hr.  37  min. 

Cost  of  operating' for  the  month   ."..' ...:;■..•;. ^.i'..- $2,888 

Cost  of 'extraordinary  repalr^s  for  the  month ., 774 

Fuel  consumed,  845  bbl.  fuel  oil  at  70  and  75  ct.  per  bbl. 

The  dredge  Sabine  -was  transferred  on  July  13,  1904,  for  work 
beyond  the  ends  of  the  jetties  at  South  Pass.  The  dredge  left 
Ne-w  Orleans  on  July  14,  arrived  at  Port  Eods  on  July  15,  and 
began  work  beyond  the  ends  of  the  jetties'on  the,  same  day.  The 
ttiaterial  removed  consists  principally  of  a  stiff  clay  or  mud,  with 
some  salicf.  Between  July  15  and  30,  the  dredge  .worked  161.5 
hr.,  distributed  as  follows: 
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Moving  to  and  from  dredging  position  . .  .•. 13  hr. 

Pumping     ^^2    ^^ 

Dumping 28 

Repairs 12%    " 

Taking  aboard  fuel   r---        ° 

During  this  time  the  'di-edge  removed  286  loads  of  material 
containing  a  total  of  about  55,770  cu.  yd.  of  solid  matter.  The 
expenses  of  the  dredge  from  July  13  to  31,  were  about  $1,250, 
making  the  average  coat  per  cu.  yd.  of  material  removed  about 
2y^  ct.  Frorti  the  13th  to  31st,  439  bbl.  of  fuel  oil  were  consumed, 
of  which  401  bbl.  were  used  in  connection  with  the  dredging 
operations  proper.  In  August,  1904,  this  dredge  removed  67;- 
860  cu.  yd.  at  this  locality,  the  average  cost  fpr  working  ex- 
penses !  being  3  ct.  per  cu.  yd. 

Work  of  Hopper  Dredges  in  Ambrose  Channel.  Two  dredges, 
"  Thomas  "  and  "  Mills  "  were  constructed  after  the  "  Liverpool 
type"  of  dredges  for  the  Metropolitan  Dredging  Co.,  to  work  in 
New  York  Harbor.  These  dredges  were  each  self-propelling 
steamers  of  7,000  tons  displacement,  300  ft.  long,  52.5  ft.  beam, 
with,  a  hopper  capacity  of  2,800  cu.  yd.,  and  a  speed  of  10  knots. 
The  draft  when  empty  was  13  ft.,  and  when  loaded  18  ft.  Each 
was  equipped  with  a  double-suction,  48-in.,  centrifugal  pump. 
The  suction  pipe  was  48Tin.  diameter,  and  operated  through  a 
longitudinal  well  in  the  vessel.  The  hoppers  or  bins  were  dumped 
through  bottom  valves.  The  : cost,, of  each  dredge  was  about 
$475,000. 

At  work  in  New  York  Harbor,  sand  (70%),  with  clay  '{5%), 
gravel  and  small  stones  was  the  material  dredged.  Thei  sand 
fed  freely.  The  maximum  rates  of  loading  were  as  follow?:  2,850 
cu.  yd.  in  32  min.;  21,624  cu.  yd.  in  1  day;  285,551  cu.'yd.  for 
one  dredge  in  1  month;  552,297  cu.  yd.  for  .both  dredges  in  1 
month.  During,  the  12  months  ending  June  30,  1902,  the  two 
dredges  removed  5,015,568  cu.  yd.  of  sand,  of  which  923,176 
cu.  yd.,  or  18.4%,  were  from  below  the  required  depth,  leaving  a 
net  output  of  4,092,392  cu.  yd.,  or  170,516  cu.  yd.  per  month 
per  dredge. 

The  large  amount  cut  from  below  grade  was  due  to  the  method 
of  working  the  Liverpool  type  of  dredges.  The  vessel  was  an- 
chored while  dredging  and  thiis  deep  holes  with  intervening 
high  ridges  resulted;  :It  required  from  3  to  6  moves  to  obtain 
a  full  load.     Naturally  an  uneven  bottom  was  left. 

During  562  working  days  previous  to  May  31,  442  (78.7%) 
days  were  actually  worked,  88  days  (15.7%)  were  used  for  re- 
pairing, and  32  days  (5.6%)  were  lost  during  bad  weather. 
During  the  working  days,  153,4  hr.  per  day  were  worked,  the  re- 


METHODS  AND  COST  OF  DREDGING  727 

mainder  of  the  time  being  charged  to  weather,  coaling,  minor 
repairs,  and  lack  of  steam. 

The  time  occupied  in  pumping,  removing  and  dumping  an 
average  load  of  2,500  cu.  yd.swas  3  hr.  50  min.,  of  which  1  hr. 
45  min.  was  spent  in  going  to  and  returning  from  the  dump  (12 
miles),  and  15  min.  in  dumping. 

The  crew  required  for  day  and  night  work  on  each  dredge  was 
54  men ;  the  monthly  payroll  was  $2,700  per  dredge. 

Work  of  U.  S.  Dredges  in  Ambrose  Channel.  Henry  N.  Bab- 
cock,  in  Engineering  and -Contracting,  Oct.  3,  19'06,  gives  the  fol- 
lowing :  The  two  dredges  "  Manhattan  "  and  "  Atlantic  "  differ 
essentially  in  their  method  of  operation  from  the  Liverpool  type 
of  dredge  described  in  the  last  paragraph.  The  Liverpool  type 
of  dredges  dredged  while  stationary,  and  thereby  sunk  holes  to 
great  depths.  The  ridges  between  these  holes  did  not  wash 
away  to  the  extent  that  might  be  expected.  This  was  due  to  the 
nature  of  the  sand,  which  varied  from  medium  fine  to  coarse, 
was  hard  packed  and  possessed  much  stability.  Dredges  of 
this  type  were  successful  at  Liverpool,  England,  where  the  bottom 
is  a  fine  quicksand  which  ran  into  deep  holes  as  soon  as  they 
were  made. 

To  overcome  this  defect  the  government  vessels  were  designed 
to  dredge  while  proceeding  at  low  speed,  thus  removing  a  strip 
of  approximately  constant  depth  from  the  channel  bottom.  The 
following  relates  to  the  work  of  these  dredges  during  their  first 
season. 

These  vessels  were  of  the  same  plan,  each  being  steel,  twin- 
screw  steamers,  288  ft.  long,  48  ft.  wide,  with  two  self-contained 
sand-bins,  holding  about  2,300  cu.  yd.  when  fully  loaded.  Each 
dredge  was  equipped  with  two  20-in.  centrifugal  pumps,  20-in. 
suction  pipes,  and  4  boilers  each  14  ft.  diameter  by  12  ft.  long. 

After  certain  trials,  the  dredges  "  Manhattan  "  and  "  Atlantic  " 
began  actual  work  at  Ambrose  Channel  on  Feb.  8,  1905.  The 
material  was  excavated  to  a  depth  of  40 ,  ft.  '  It  consisted  mainly 
of  coarse  and  fine  sand  and  gravel,  a  small  amount  of  clay,  some 
mud,  and  about  3%  of  miscellaneous  refuse  such  as  paving  blockg, 
timber,  iron,  chain,  etc. 

Each  dredge  had  two  drags,,  which  made,  two  furrows  each 
5  ft.  wide,  3  or  4  in.  deep,  and  about  52  ft.  apart.  With  the 
vessel  proceeding  at  speeds  of  1.5  to  3  miles  per  hr.,  a  load  of 
2,200  cu.  yd.  (about  1,800  cu.  yd.  place  measure)  was  removed 
in  a  length  of  15,000  to  20,000  ft.  The  courses  were  laid  out  bo 
that  a  dredge  obtained  a  full  load  in  going  up  and  back  once. 

The  distance  to  the  dumping  grbunds  was  about  8  miles.     The 
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average  time  going  loaded  was  46  rain.,  and  returning  empty  36 
min.,  a  total  of  82  min.  (or  28%  of  total  working  time)  for  an 
average  load  of  2,044  cu.  yd.  Up  to  Aug.,  1905,  dredging  was 
performed  dui-ing  the  day,  but  since  that  time  both  day  and 
night.     Night  work  is  about  90%  as  efficient  as  day  work. 

Up  to  July  1,  1905,  the  dredges  were  undergoing  many  alter- 
ationsr  and  repairs.  During  8.  months'  work  of  one  dredge  and  2 
months'  work  of  the  other  467,450  cu.  yd.  (46,745  cu.  yd.  per 
dredge  month)  were  removed  at  a  cost  of  9.9  ct.  per  cu.  yd.  Prom 
July  1,  1905,  to  May  31,  1906,  both  dredges,  working  11  months 
each,  removed  3,258,707  cu.  yd.  at  a  "  field "  cost  of  5.3  ct.  per 
cu.  ydi     The  itemized  cost  was  as  follows : 

Ct.per 

*  cu.  yd. 

Pumping 3.357 

Turning     0,206 

Going  loaded    '. 0.835 

Dumping 0.223 

Returning  empty   0.653 

Total  per  cu.  yd.   ..> 5.274 

,,  It  will  be  noticed  that  about  one-third  of  the  total  working 
time  is  spent  in  travelling  and  dumping  the  load. 

Divided  according  to  items  of '  expense,  the  cost  was  as  fol- 
lows: 

Ct.  per  ' 
cu.  yd. 

Payroll 1.761 

Coal     1.408 

Water    ,........; 0.039 

Subsistence     0.476 

Kngine-room   supplies    0.098 

■  Miscellaneous    supplies    0.150 

Repairs  and,  renewals  : 1.342 

Total  .per  cu.  yd 5,274 

These  vessels  are  very  sea- worthy  and  remain  at  work  as  long  ■ 
as  it  is  possible  to  dump  at  sea.  The  week's  work  begins  at  5 
A.  M.  Monday,  when  they  leave  their,  docks.  At  noon  Saturday 
they  return  to  dock  and  that  night  or  on  Sunday  they  take  on 
coal  and ,  supplies,  clean  boilers,  etc.  During  the  period,  July  1, 
1905,  to  May  31,  1906,  out  of  670  days  of  24  hr.  each,  335.1  days 
(50%)  were  spent  actually  at  work,  138.1  days  (20.6%)  were  lost 
while  repairing,  11.5  days  (1.7%)  on  account  of  fog- and  snow, 
13,4  days  (2.0%)  on  account  of  storms,  46  days  (6.9%)  \ifhile 
taking  on  coal,  in  making  minor  repairs,  etc.,  3.7  days  (0.6%) 
on  .account  of  miscellaneous  delays,  12.2  days  (1.8%)  in  July 
be,fore  night  work  began,  and  110  days  (16.4%)  on  Sundays  fand 
holidays. 
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The  estimated  total  cost  of  work  of  one  dredgefor  one  month 
is  given  below.  The  unit  cost  is'based  on  the  average  monthly 
output  of  one  dredge  during  the  twelve  months  ending  June  30,^ 
1906,  of  158,100  cu.  yd.  During  June,  1906,  the  two  dredges 
excavated  535,692  cu.  yd.  (267,846  ou.  yd.  each).  The  crew 
required  on  each  dredge  numbers  54  men,  the  wages  paid  being 
as  follows :  ; . 

Deck:  • 

1  engineer  Inspector    $    166.66      9  oilers  at  $45   '■■ 405  00 

1  master    ..:. 175.00      9  stokers  at.  $40   ...; 360.00 

1  mate    120.00 

iS  :;:::::::::!:::::;::::!   ra;™,    /Steward's  Department     , 

3  dredgemen  at  $40  r---  120.00  1  cook     60.00 

4  dredgemen  at  $30   .  J 120.00  1  cook : '45.00 

6  deckhands   at  $36  - 210.OO  1  cook 30.00 

7.  deckhands,  at,  $30   , 210.00  3  waiters  at  $20   ._ 60.00 

Engine  Koom;                       ,-  ,    ,  Carpenters: 

1  chief .  engineman    150.00  1,(%    time    to    each    dredge) 

1  assistant  engineman    llO.OO  at  $60   '. 30.00 

1  assistant  engineman    ..:.,.'     "90.00 


1  assistant  ,  engineman    . .  h  . . .       75.00  Total .$2,701,66 

The  actual  pay  roll  has  varied  from  $2,406  to  $2,709,  the  aver- 
age being  about  $2,660.  The  deck  crew  works  12  hr.  per'  day 
while  dredging  and  8  hr.  per  day  while  repairing.-  The  engine 
room  men  and  the  computers  work  8  hr.  per  day.  The  fuel  used 
is  free  burning  bituminous  coal,  purchased  under  different  con- 
tracts at  prices  ranging  from  $3.01  to  $3.25  per  ton  of  2,240 
lb.     — 

Per  month 

PayroU     $2,660 

Coal    2,480 

Water    , 60 

Subsistence 700 

Engine-room ,  supplies    150 

Other    supplies 250   ' 

Casual    repairs    '         500 


Total  operating  expenses $  6,800 

■Docking,  painting  —  2  times  per  year   ...' ....'.  $1,250. 

Renewals  of  equipment,  per  year : 12,150 

Miscellaneous,    per   year    ...; 1,000 

Total  maintenance  per  year   $14.400 

Total  maintenance  per  month'  $  1,200 

Depreciation  fund;   10%  on  $341,800 $341,180 

Interest  at  i% 13,672 

Insurance  at  2%    .'. 6,836 

Total  fixed  charges  per  year  $54,688 

Total   fixed   charges   per  moiith $  4,500 

Grand  total  per  month   $12,500 
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Note  that  the  rate  of  interest  is  very  low..  Also  note  that  the 
dredge  ia  assumed  to  work  12  monthsevery  year;  which  is  usu- 
ally unattainable  over  a  long  period  of  years.  r 

The  field  cost  of  dredging  already  stated  was  5.27  ct.  ppr  cu. 
yd.  The  cost  of  interest,  depreciation,  and  insurance  <  $4,500) 
divided  by  the  average  monthly  output  of  158,100  cu.  yd.,  gives 
a  further  charge  of  2.85  ct.  per  cu.  yd.,  which  brings  the  total 
cost  of  dredging  to  8.12  ct.  per  cu.  yd.,  which  is  slightly  less  than 
the  price  bid  by"  a  contractor  of  9  ct.  per  cu.  yd.  It  should  be 
noted  that  the  cost  of  repairs  is  probably  less  than  the  cost 
of  repairs  on  an  older  boat. 

In  Professional  Memoirs,  January-March,  1909,  Capt.  H.  L. 
Wigmore  gives  further  cost  data  of  the  work  of  the  Manha/ttan 
for  1908  in  Ambrose  channel.  This  article  was  abstracted  in 
Engineering  and  Contracting,  Sept.  22,  1909.  Below  is  given 
cost  of  operating  the  Manhattan,  with  further  data  showing  the 
post  to  a  contractor  and  to  the  government.  In  calculating  the 
cost  to  a  contractor  the  cost  of  surveys  and  examinations  should 
not  be  considered,  but  the  cost  of  interest,  depreciation,  and  iii- 
sur-ance  should  be.  All  of  these  items,  except  interest  and  in- 
surance, should  be  included  in  an  estimate  .  of  the  cost  to  the 
government. 

Pay  roll   ..'. '  131,891.63 

Goal    .^ ; 34,820.06-: 

Subsistence 12,390.46 

Supplies 4,704.84 

General  repairs   20,369.61 

,     Wharfage    777.50 


Total $103,954.10 

The  total  yardage  of  the  "  Manhattan  "  for  the  period  from  June 
30,  1907,  to  June  30,  1908,  was  2,660,513  yd.  Taking  the  total 
cost -of  operation  as  $103,954.10,  which  includes  all  ite^s  of  ex- 
pense whicli  would  be  borne  by  a  contractor.  We  have  a  cost 
per  yd.  of  : $0,039 

Building  cost  of  "  Manhattan  "  was  $340,041.58. 

Ten  per  cent,  sinking  fund,  $34,004.16  =  per  yd 013 

Insurance  and  interest  taken  at  7%,  $20,802.91  =,  per  yd 0.008 

Cost  to  a  contractor ' $0,060 

There  should  be  added  an  allowance  of  12^%  in  this  case  for  over 
depth  in  dredging  for  which  the  contractor  is  not  paid  = 
per  yd ^ .,. ..        .006 

Total    r.    $0,066 

Total' cost  to  the  United  States  was   as  follows   (excepting  cost  of 

vessel) : 
For    cost'  surveys    and    examinations    for    two    boats    $19,983.34    or 

$9,?91,67,  chargeable  to  the  "  Manhattan  "— per  cu.  yd $0,004 
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For  office  and  contingent  expenses  $6,752.15.  $3,376,075  tor  the 
"  Manhattan."  To  this  should  be  added  $1,500  for  the  inspect- 
or's ssJary— Tper  cu.  yd.   002 

Operating  as  before  —  per  cu.  yd 039 

Sinking  fund  as  before  —  per  cu.  yd 013 

Total  cost  to  the  United  States $0,058 

Sea-Going'  Hydraulic  Hopper  Dredge  for  North  Pacific  Bars. 

Engineering  News-Record,  Nov.  8,  1917,  describes  a  dredge  built 
to  meet  the  extreme  conditions  of  digging  and  seaway  encoun- 
tered on  the  sand  bars  of  the  river  entrances  of  the  North  Pacific, 
particularly  at  Coos  Bay,, Oregon. 

•  The  Col.  P.  8.  Miehie  was  designed  in  the  office  of  the  chief  of 
engineers  and  placed  !in  comnijission  in  the  spring  of  1914.  She 
was  constructed  in  the  yards  of  the  Seattle  Construction  and  Dry 
Dock  Co.  and  delivered  r^dy  for^service  in  16  months  from  date 
of  awa^d  of  contract,  at  a  cost  of  $378,198.  The  dredge  is  of  steel 
construction,  has  a  length  of  244.6  ft.  over-all,  molded  amidship 
width  of  20  ft.;  draft,  light,  of  11  ft.,  draft,  loaded,  of  17  ft.; 
displacement,  light,  -  of  1,708  tons  and  displacement,  loaded,  of 
3,372  tons.  Her  speed,  light,  is  10  knots  and  loaded  8  knots, 
and  the  speed  maintained  while  in  operation  is  1%  knots ;  en- 
gines, 1,780  hp. 

There  are  six  bins,  three  on  each  side  of  the  well,  having  a 
combined  capacity  of  1,400  cu.  yd.  These  bins  are  fitted  with 
overflov  weirs  which  dispose  of  all  surplus  water.  Openings  are 
also  provided  below  the  level  of  the  maximum  capacity  to  permit 
the  dredge  to  operate  on  a  lighter  draft  if  necessity  demands. 
A  trap  gate  in  the  bottom  of  the  biiis  releases  the  material.  The 
bins  can  be  filled  or  dumped  with  dredges  singly,  collectively  or 
in  pairs.  In  order  to  keep  the  vessel  from  listing,  especially 
in  heavy  seas,  it  is  the  practice  to  empty  partly  the  two  for- 
ward hoppers,  then  to  dump  the  fdur  after  hoppers.  The  dredge 
actually  fills  the  hoppers :  in  45  min.  and  it  is  able  to  dump  its 
entire  load  in  7  min. 

Thfe  lower  end  of  the  dredge  arm  is  fitted  with  a  drag  head 
of  the  usual  type  used  by  sea-going  dredges.  The  first  drag 
head  used  was  made  of  ordinary  steel  and  was  in  serviceable 
condition  for  about  30  days  of  actual  use.  ,  A  new  drag  made  of 
manganese  steel  has  seen  two  years  of  actual  service  and  has 
handled  as  many  as  27  cu.  yd.  of  material  per  min.  over  long 
periods  of  operation.  The  dredge  arm  has  been  operated  in  42  ft. 
depth  of  water  and,  in  this  ^position  has  an  angle  of  30°  from  the 
vertical.  All  movements  of  the  dredge  arm,  pumping,  disposing 
of  material,  etc.,  are  mechanically  operated,  the  chief  operator's 
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station  being  located  conveniently  to  afford  a  clear  view  of  all 
movements. 

When  dredging  operations  began  in  1914  there  was  17  ft.  of 
water  on  the  bar.  The  following  is  a  record  of  the  first  season's 
work  of  the  Michie. 

The  unit  cost  of  dredging  for  the  season  was  14.6  ct.  per  cu. 
yd.,  of  which  the  labor  cost  =  6.8  ct.  per  cu.  yd.  and  fuel  oil  = 
3.1  ct.  per  cu.  yd.  The  pumping  average  for  the  season  was  14.5 
cu.  yd.  per  min. 

The  cost  of  dredging  for  the  season  of  1915  was  5.13  ct.  per 
cU.  yd.,  of  which  the  labor  cost  was  1.95  ct.  per  cu.  yd.  and  fuel 
oil  1.6  ct.  per  cu.  yd.  Operations  for  the  month  of  March  give 
a  i*ecord  well  worthy  of  consideration.  This  month  the  cost  of 
dredging  was  2.88  ct.  per  cu.  yd.  The  costs  given  include  all 
overhead  expenses,  including  a  2%  charge  for  Portland  office  ex- 
penses,' but  do  not  include  the  expenses  incurred  by  the  dredge 
while  out  of  commission.  ■ 

Filling  Behind  Bulkheads.  The  co?t  of  dredging  by  Seattle 
and  Lake  West  Waterway  Company  'is  given  by  0.  H.  KoUins  in 
a  paper  read  before  the  Pacific  Northwestern  Society  of  Engi- 
neers, May,  1904. 

Dredging  was  performed  by  a  Bowers  pattern  dredge,  filling 
behind  bulkheads  of  brush  and  dikes  of  sand  with  straw  or  hay 
embedded  in  them.  The  outlet  for  the  waste  water  was  througli 
vertical  sluice  boxes  from  the  bottom  of  which  other  horizontal 
boxes  extended  to  a  point  beyond  the  fill.  Other  bulkheads  were 
of  piles  and  planking.  The  brush  bulkheads  were  the  best  for 
they  were  semi-permanent..  Brush  bulkheads  were  in  good  con- 
dition after  being  in  place  9  years. 

Brush  lulkheacl.s  were  constructed  as  follows :  Young  fir  brush 
was  so  placed  with  the  butts  out  as  to  give  a  slope  of  1  or  li^ 
to  1  to  the  face.  The  top  width  of  the  bulkhead  was  12  ft. 
Piles  were  driven  in  2  rows  10  ft.  apart,  piles  being  6  or  more 
ft.  apart  on  centers.  Planks  were  temporarily  spiked  to  the 
piles  to  hold  the  brush  in  place.  The  brush  was  kept  a  little 
above  the  fill  at  all  times.  This  type  of  bulkhead  permitted 
the  water  to  waste  rapidly  but  held  nearly  all  of  the  filling 
material. 

Temporary  Pile  and  Plank  Bulkheads  were  constructed  by  driv- 
ing piles  in  2  rows,  8  to  10  ft.  apart,  with  piles  at  8-ft.  centers. 
The  outer  row  of  piles  was  braced  with  1%-in.  planks  to  the 
inner  row,  and  the  inner  row  was  braced  with  planks  to  anchors 
in  the  fill.  Planks  were  spiked  to  the  inside  of  the  outer  row 
of  piles  for  half  their  height,  and  to  the  inner  row  of  piles 
for  the  remainder   of  the  height  of  the  fill.     The  planks   were 
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13^  in.  (or  oceasiomally  3  in.)  thick.  This  type  of  bulkhead  was 
inexpensive  and  satisfactory. 

The  dredging  was  performed  by  two  20-in.  suction  dredges. ,  The 
San  Diego  was  e'quipped  with  a  600-hp.  engine  and  a  rotary  cut- 
ter, and  could  dig  to  over  50  ft.  in  depth.  The  30-in,  discharge 
line  was  supported  at  the  shore  and  by  tackles  from  derrick 
seoWs.  1  The  Portland  was  equipped  with  800-hp.  engine  and:  22-in. 
discharge. 

Hydraulic  Dredging  at  Oakland  Harbor,  Cal.  L.  J.  Le  Conte 
in  Transactions,  American  Society  of  Civil  Engineers,  Vol:  IS 
(1884)  gives  the  cost  .of  dredging  with  a  hydraulic  dredge. 
This  machine  was  equipped  with  a  rotary  cutter  for  work  in 
hard  material,  20-in.,  suction  pipe,  a  centrifugal  pump,  two 
16  X  20-in.  pump  engines,  two  12  x  12-in.  cutter,  hoist,  and  winch 
engines,  and  two  100-hp.  boilers.  The  material  excavated  was 
sticky,  blue  clayey  mud.  The  percentage  of  solid  matter,  dis- 
charged from  the  pipe  line  varied  up  to  40%;  the  advisable 
maximum  percentage  was  15%. 

During  the  years  1883  to  1886  inclusive,  in  23  working  months, 
1,201,370  cu.  yd.  were  excavated,  an  average  of  52,233  cu.  yd.  per 
month.  The  length  of  the  discharge  pipe  line  varied -from  900 
to  3,900  ft.  The  maximum  monthly  output  was  during  Oct., 
1885,  when  85,902  cu.  yd.  were  discharged  in  269  engine-hr., 
through  3,400  ft.  of  pipe  line.  In  Apr.,  1884,  63,080  cu.  yd.  were 
discharged  in  275  engine-hr.  through  3,900  ft.  of  pipe. 

•The  monthly  expenses  were  as  follows: 

Per  month 
1  captain $    200.00 

1  engineman     100.00 

2  firemen   at   $60 120.00 

'  1  mate   n 60.00 

2  guy-tenders  at, $40   80.00 

3  deckhands  at  $40   120.00 

'     Icook .• 60.00 

Poard  for  11  men  at  $15  165.00 

Coal,  62.5  tons  at  $9  562.50 

Oil,  &  gallons  at  $1  25.00 

Water,  1,500  gal.  at  1  ct , 15.00 

Repairs  to  dredge  and  pipe  line   .....' 300.00 

Interest  on  plant,  $50,000  300.00 

Depreciation    208.50 

Insurance    . .- 167.00 

Taxes     50.00 

6  shore  men  at  $6Q 360.00 

52,233  cu.  yd.  at  5.6  ct $2,893.00 

Hydraulic  Dredging  at  Rockaway,  'S.  Y.  Ervgineering  Record, 
Sept.  22,  1900,  contains  a  description  of  an  embankment  between 
Brooklyn  and  Rockaway,  New  York  City,  which  was  formed  of 
hydraulic  dredged  material.     The  embankment  was  70  ft.  wide 


METHODS  AND  COST  OF  DREDGING  735 

and  5  ft.  above  high  water.  The  original  marsh  surface  was  at 
about  the  high  water  level,  and  the  material  was  mud  for  a 
depth  of  15  ft.j  with  coarse  sand  beneath. 

A  hydraulic  dredge  cut  a  channel  200  ft;  wide  and  35  ft.  deep, 
and  discharged  the  material  in  the  fill  in  a  direction  parallel  to 
the  axis  of  the  fill,  and  between  longitudinal .  turf  dikes.  The 
waste  water  percolated  through  the  turf,  leaving  the  embankment 
firm  enough  to  walk  upon  within  a  few  hours.  The  turf  of 
which  dikes  were  formed  was  cut  from  adjacent  salt  marshes,  and 
was  laid  up  like  masonry,  with  a  base  as  wide  as  the  dike  was 
high,,  ajad  a  top  2  ft.  wide.  The  outside  face'  was  battered.  The 
ordinary  height  was  6  ft.  and  above  this  the  fill  was  retained 
by  temporary  wooden  hurdles,  made  in  sections  16  ft.  long 
arid  3  ft.  high  and  by  a  horizontal  platform  3  ft.  wide  built  into 
the  fill  so  as  to  give  stability.  The  lumber  used  was  matched 
1-in.  hemlock,  nailed  to  3  x  4-in.  cross-pieces.  The  first  cost  of 
each  16-ft.  hurdle  was  $4  to  $5,  and  it  cost  50  ct.  each  time  one 
was  shifted.  Turf  dikes  6  ft.  high  were  constructed  by  5  men 
at  the  rate  of  20  lin.  ft.  in  10  hr.,  or  nearly  3.6  cu.  yd.  of  turf 
wall  per  man  per  da-y-  '  '       > 

In  forming  the  embankment,  mud  was  deposited  ■  first  and  the 
sand  on  top.  The  fill  was  made  9  ft.,,  high,  but  in  a  few  days 
settled  to  a  permanent  height  of  5  ft.  abovp  high  \v;fiter.  The 
settlement  of  the  embankment  caused  an  upheaval  of  the  mud 
on  both  sides. 

The  dredge  had  a  16-in.  suction  pipe,  a  15-in.  centrifugal  pump 
with  a  diameter  of  7  ft.,  and  a  350-hp.  engine.  It  had  a  rated 
capacity  of  16,000  cu.  yd.  delivering  a  distance  of  500  ft.  in  32 
working  hr.,  or  500  cu.  yd,  per  hr,  when  conditipns  were  favorable. 
This  dredge  built  100  lin.  ft.  of  fill  in  10  hr.,  or  1,300  cu.  yd.  of 
5  ft.  fill.  In  one  month  a  90,000-cu.  j'd.  fill  was  made,  the  dredge 
working  2  daily  shifts  of.  12-hr.  each.  This  was  at  the  rate  of 
about  1,700  cu.  yd.  per  shift,  or  150  cu.  yd.  per  hr.  When  de- 
livering material  a  distance  of  1,100  ft.  to  an  elevation  of  20  ft. 
the, discharge  contained  up  to  30%  of  solid  material. 

Cost  with  Hydraulic  Dredges  on  the  Uassena  Canal.  Engi- 
neering, News,  Oct.  30>  1902,  gives  the  following  data  relative  to 
the  work  of  centrifugal  pump  dredges  on  the  Massena  Canal, 
from-  a  tpaper  read  before  the  International  Navigation  Congress 
by  John  Bogart.  u 

Dredge  No.  1  was  equipped  with  a  12-in.  centrifugal  pump,  a 
rotary  cutter,  a  compound  condensing  engine  of  125  hp.,  and 
12-iji-.  J, suction  and  discharge  pipe.  This  machine  handled  soft 
elaj:^„'loam  and  sand,  but  could  not  dredge  indurated  clay.  The 
material  was  dredged  at  depths  up  to  22  ft.,  and  discharged  30 
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ft.  above  the  water  level  through  1,200  ft.  of  pipe.  The  discnar^e 
averaged  25%  solid  material,  the  range  heifflg  from  7  to  30%.  ' 

Dredge  No.  2  was  similar  to  No.  1  except  that  it  was  larger. 
It  was  equipped  with  18-in.  suction  and  discharge  pipe.  The 
material  handled  and  the  distance  it  was  conveyed  were  exactly 
the  same  as  for  No.  1. 

Each  dredge  worked  two  shifts  of  11  hr.  daily.  Dredge  No.  1 
required  the  following  crew  per  shift:  1  captain,  1  engineman, 
1  oiler,  1  fireman,  1  deckhand  foreman,  3  laborers  at-  15  ct.  per 
hr.  The  total  pay  of  18  men  for  11  hr.  was  $17.95.  Dredge 
No.  2  required  one' more  man  (a  spudman),  and  the  total  pay 
per  shift  was  $20.95. 

Dredge  No.  1  worked  209  days  each  Reason.  Careful  observa- 
tions for  194  days  showed  the'average  daily  output  to  be  l,l25 
cu.  yd.  per  day.  Dredge  No.  2  worked  two  seasons  and  removed 
290,780  cu.  yd.,  or  an  average  of  1,544  cu.  yd.  per  day.  The 
daily  (2  shifts)   cost  was  as  follows: 

12-in.  dredge  18-in.  dredge 

Labor  and  supervision   $35,90  $  41.90 

Coal  at  $3  per  ton  27.00  54.00 

Oil,  waste,  etc.  ..,,.... 5.00  8.00 

Care  during  winter  at  $209  1.00  1.00 

Interest,'  depreciiition  and  repairs  '26,80  40,19 

Total  per   day    $95,70  $145,09 

Cost  per  cu,  yd,,  total,  ct ,, 8,50  9.40 

:   (Dredge    No.    1    cost   .$40,000 ;    dredge  ,  No.    2  i  cost  '  $60,000. 
interest  at  4%;  depreciation  and  repairs  at  10%.) 

Suction  Dredge  at  'Warroad  River,  Minn.  At  Lake  of  the 
Woods,  Minn.,  a  plant  consisting  of  a  suction  dfedge,  wood  barge, 
pipe  line  andjloats,  and  small  boats,  total  cost  $29,130,  was  used 
to  excavate  a  navigable  tributary,  the  Warfoad  River.  The  work 
of  this  outfit  is  described  by  Emile  Low  in  Engineering  News, 
Nov.  ,59,  1906. 

The  dredge  hull  was  100  ft.  long,  27  ft.  wide  and  8.5' ft.  deep 
amidship.  The  total  length,  including  the  ladder  and  revolving 
cutter  at  the  bow  and  the  stern  paddle-wheel,  was  185  ft.  The 
hull  contained  a  sand  bin  amidship  with  a  capacity  of  100  cu.  yd. 
The  machinery  included  two  12-in.  centrifugal  pumps,  one  16-hp. 
cutter  engine,  one  20-hp.  hoist  engine,  two  10  x  60-in.  stern  wheel 
engines,  one  6  x  10-in.  duplex  force-  pump,  and  four  hand-power 
worm  gears  for  operating  the  spuds.  Steam  was  supplied  by  two 
75-hp.  marine  boilers. 

From  May  7  to  June  30,  1904,  this  dredge  excavated  a  channel 
1,380  ft.  long,  100  ft.  wide,  and  an  average  of  8  ft.  deep,  a  total 


METHODS  AND  QOST  OF  DREDGING  737 

of  8,625  cu.  yd.,  at  a  total  operating  cost,  including  fuel,  of 
21.67  ct.  per  cu.  yd.  Storms  caused  a  loss  of  5.5  days.  Prom 
July  1  to  Oct.  2.9,  1904,  a  total  of  26,923  cu.  yd.,  or  a  daily  aver- 
age of  only  259  cu.  yd.,  were  dredged.  Storms  caused  a  loss  of 
12.3  da,y8.  The  material  dredged  was  equal  quantities  of  hard- 
pan  and  mud  with  fibrous  roots  of  bullrush,  etc. 

The_  total  excavation  for  the  twelve  months  preceding  June  30, 
1905,  was  55,205  cu.  yd.  The  cost,  including  fuel,  was  13.03:  ct. 
per  cu.  yd. 

Dredging  Silt  with  a  Small  Centrifugal  Outfit.  In  order  to 
remove  the  mud  from  the  bottom  of  a  Pittsburg  reservoir,  a  dredg- 
ing plant  of  simple  construction  was  used.  F.  B.  Marsh,  in  Engi- 
neering Record,  Sept.  3,  1904;  gives  the  following: 

Two  50-hp.  boilers,  located  on  a  dividing  wall  in  the  reservoir, 
and  pi-otected  by  board  covering,  supplied  steam  thro .  gh  a  line  of 
4-in.  pipe  to  the, engine.  Th^  engine  was  of  75  hp.,  and  was  in- 
stalled with  an  8-in.  Morris  Centrifugal  pump  and  the  necessary 
suction  pipes  and  other  equipment,  on  a  float,  20  x  30  ft.  in  size. 
The  steam  pipe  was  of  wrought  iron  with  a  40-ft.  section  halving 
at  each  end  a  flexible  ball-and-socket  joint  between  two  qilarter- 
bends.  This  pipe,  supported  on  the  surface  of  the  water  by  floats, 
permitted  the  dredge  to  swing  freely.  Eubber  pipe  connections 
were  unsuccessful. 

,  The  suction  pipe  consisted  of  a  Ib-ft.  length  of  rubber  hcise  with 
a  22-ft,  length  of  wrought  iron  8-in.  pipe  to  which  the  mouth- 
piece was  attached.  j^This  mouthpiece  was  a  45°  bend  enlargiiig 
to  12-in.,  and  turned  down  so  as  to  rest  on  the  mud.  The  dis- 
charge pipe  from  the  pump  to  the  embankment  was  10-iri.,  arid 
the  remaining  pipe  that  carried  the  dredged  material  oyer-  the 
embankment  was  8-in.  Fully  10%  of  sblid  matter  was  carried. 
The  lift  was  froni  16  to  18  ff.,  the  suction  about  7  ft. 

About  55,000  cu.  yd.  were  dredged  at  an  operatiiig  cost  of  abdtit 
10  ct.  per  cu.  yd.,  or  a  total  cost,  including  the  cost  of  equipment, 

Pf  ?5  ?t-  -^  '         ^ 

Cost  at  Wilmington,  Cal.     Engineering  News,  Aug.   16,   1906, 

gives  the  following:  A  hydraulic  dredge  was  used  in  the  harbor 
of 'Wilmington,  Cal.  The  dredge  was  placed  in  commission  Apr. 
1,  1905,  and  from  that  time  until  June  30,  1905  (3  njos.)  it 
dredged  227,464  cu.  yd.  of  sand  with  shells  and  a  small  per- 
centage of  clay,  cobbles,  disintegrated  sandstone  and  very  com- 
pact and  hard  mud.  The  dredge  was  laid  up  16  days  during  this 
period,  leaving  an  actual  working  period  of  2.5  months.  The 
rate  of  dredging  was  therefore  91,000  cu.  yd.  per  month.  , 
The  cost  of  the  work  during  this. period  was  as  follows: 
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'feoutintei  dffice  work,  labdri,:i.'_ I     6J3i    .      i 

Care  of  plant  and  prope|rty,  labor   , 180   , 

Surveys,   labor  and   stipf)I'i'eg ' -        196 

Towing, -dispatch  work,  labor,  fuel,  supplies 316 

Alterations    and    repairs;  supt.,    labor,    fuel,    water, 

lubricants,    supplies    '. — '.. 10,085  ' 

Deterioration  of  plant  and  property  (estimated) 2,264 

Total : ..;..    $16,106 

The  original  cost  of  this  dredging  plant  was  as-  follovirs: 

20-in.  suction  dredge.    "  San  Pedro  "  -600  hp.  engines    $  99,453 

'  Gasoline  laurich,  30  ft.  long,  16  hp.  engine  ...'......-..'  l',TS3  >  ■' 

Discharge  pipe  line   , ,  3,023      , ,-  .^ 

Rubber   sleeves    , 1,275' 

24  pontoons;  1  water  "boat,  34  ft.  long;  1  oil  boat''34  '  '  -       < 

ft.  long :  1  derrick  boat  29.5  x  11  ft 6,501 

Skiffs     ..,,. 154 

Total  cost  of  plant $112,139 

.  Hydraulic  Dredging  on  N.  T.  Barge  Canal.  The  following 
data, of  the  cost  of  certain  work  on  contrapt  No.  4  of  the  New 
York  State  Barge  Canal,  are  given  by  Eniile  Low  in  Engineering 
News,  Dec.  5,  1907:  This  work  was  performed  by  means  of  an 
hydraulic  dredge.  The  depths  of  cutting  ranged  from  15  to  25 
ft.,  the  spoil  banks  being  on  the  sides  of  the  canal; 

The  dredge  Oneida  had  a  hull  DTxlt.SxlO  ft.  in  size  and  a 
light  draft  of  5.5  ft.  The  suction  pipes  were  two  in  number, 
and  ejLch  was  19.25  in.  diameter.  The  cutters  were  operated  by 
two  independent,  compound,  vertical,  reversing  engines  of  21 
hp.  The  main  engines  were  of  750  hp.  The  pump  was  centrif- 
ugal in  type  with  a  runner  6.5,  ft.  in  diameter.  Steam  was  fur- 
nished by;  two  boilers  working  at  200-lb.  pressure.  The  discharge 
pipe  was  26-in.  The  machine  is  illustrated  in  Fig.  14.  The 
dredge  as  illustrated  was, not  entirely  stable  and  it  was  necessary 
to  add  a,  pontoon  6  ft.  wide  to  each  side. 

In  the  beginning  of  Oct.,  1906,  one  daily  shift  of  8  hr.  was 
woked,  and  later  two  daily  shifts  of  8  hr.  each  were  worked.  In 
Npv»,  1906,  three  shifts  of  8  hr.  each  were  worked.  The  working 
force  per  shift  was  as  follows : 

Per  month 

1  operator $100 

1  engineman '. 100'  ' ' 

1  engineman    : .-  .80 

3  firemen   @    $70 210       ' 

1  spudman     60 

1  oiler .- 50 

,4, ditqh  hands  @  $50  :....:.....  200 

In  addition  a  gang  was  employed  to  ^hift  the  discharge  pipe 
and  repair  the  levefes  surrounding-the  spoil  banks.  There  is  also 
a  night  watchman  ^nd  an  engineman  with  a  gasoline  launch. 


METHODS  AND  COST  OF  DREDGING 


739 


740      HANDBOOK  OP  EARTH  EXCAVATION 

Much  difficulty  was  experienced  in  building  the  levees  on  ac- 
count of  the.  numerous  windings  of  the  stream,  which  necessitated 
the  construction  of  bridges  over  which  the  excavator  was  trans- 
ported. The  cost  :'f or  the  labor  employed  during  October  and  No- 
vember is  given  below.  As  high  as  10,000  mi;,  yd:,  of  quicksand 
were  pumaped  in  24  hr.,  and  some  12,000  to  17,000  cu.  yd.  of  other 
material  were  removed  in  the  same  period  of  time^, 

Ohief  engineman,  55  days  at  $150  per  month  $    288T88' 

Chief  operator,  55  days  at'$135  per  month  260.00, 

Engineman,  129  days  at  $100  per  month' 445,93           ?' 

Engineman,  129  days  at  $80  per  month .j35e.74 

Operators)  4  days  at  $130  per  month  "19.26 

Operators,  125  days  at  $100  per  month 431.11 

:           Firemen'  387  days -afr^TO-per  month J 936.44 

Spudmen,  129  days  at  $60  per  month  .. r. 267.55 

Oilers,  125  days  at  $50  per  month '.. 215.55 

Deck  hands,  516  days  at  $50  per  month  891.84 

Foremen,  58.4  days  at  $2  per  day 116.75 

Foremen,  34.3  days  at  $3  per  day 102.75 

(Laborers,  1,277  days  at  $1.60  iper  day  .■ '.i. .  2,043.20 

Tug  enginemen,  30  days  at  $80  per  month 80.00 

Night  watchman,  30  days  at  $1.60  :per  day  48.00 

i     Total  for  two  months ,'..i $6,604.00 

w  ■  '  ' " 

Cu.  yd,  dredged   ,, 183,055    • 

ICbst  per  cu.  yd.  ; '.'...      3.55  ct. 

.  Pilling  Park  Land  by  Dredging  at  Chicago.  Engineering  and 
Contracting,  Feb.  2i,  J911,  giyes  the  following; 

"The -work  of  increa^ipg  the  arear;pf  Lincoln  Park,  Chicago,  by 
means  of  filling  in  the  subnierged  ynds  along  the  shore  of  Lake 
Michigan  from  Diversey  ParkVay  nortliward,  and  creating- an  ad- 
dition fo  the  present  park  of  197.54  acres. 

The  30-in.  hydraulic 'dredge ^roracis  T.'Simmons  was  purchased 
in  1907\for  the  work  of  making- the  fill-.  It  has  now  been  in 
operation  four  seasons  and  has  made  about  1,800;000  cu.  yd.  of 
fill,  making  a  total  of  68  acres  of  new  land, 

The  dredge  is  of  the  open  end  type.  The  hull  is  of  steel  and  is 
148  ft.  long  by  38  ft.  wide,  by  10:^  ft.  deep.  The  main  pump 
has  30-in.  I  suction  and  discharge  , and  the  main  engines  are  of 
triple  expansion  marine  type  of  1,200  i.  hp.  There  are  two 
double  ended  marine  boilers  IT  ft.  6  in.  x  18  ft.  long  with  8  cor- 
rugated fiiinaces.  These  were  fitted  at  the  beginning  of  last 
season  with  eight  Jones  Underfeed  stokers  which  have  eliminated 
the  complaints  formerly  made  ofi  account  of  the  smoke  and  have 
brought  about  a  more  efficient  combustion.  The  installation  of 
engine  room  auxiliaries  includes  condenser,  independent  air  pump, 
independent  circulating  pump,  fire  and  bilge  pumps,  and  an  elec- 
tric light  outfit."  The  condenser  is  of  sufficient  size  to  receive  the 
exhaust  steam  from  the  cutter  engines  as  well  as  from  the  main 
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engines  and  all  auxiliary  engines.  The  rotary  cutter  is  of  a 
type  adapted  to  hard  and  clay  material  capable  of  penetration 
with  a  pick,  and  can  handle  soft  and  sticky  clay  without  clog- 
ging. The  cutting  edges  are  of  hard  steel  and  are  removable. 
These  will  probably  be  changed  before  beginning  next  season's 
work  as  they  have  now  worn  down  after  two  seasons'  service. 
-It  13  likely  that  manganese  steel  will  be  substituted.  The  dredge 
is  anchored  by  heavy  spuds  operated  by  power.  One  of  the  spuds 
is  used  as  a  pivot  about  which  the  dredge  makes  a  radial  cut  175 
ft.  wide  at  one  time.  The  maximum  depth  of  the  cut  is  35  ft. 
The  dredge  is  provided  with  a  complete  repair  shop  and  with 
living  quarters  for  the  crew.  See  Engineering  and  Contracting, 
Dec.  5,  1907,  for  the  design  of  the  dredge.  Considerable  comment 
was  made  upon  the  use  of  a  hydraulic  dredge  in  Lake  Michigan 
when  this  work  was  started,  because  it  was  predicted  that  it 
would  be  impossible  to  maintain  a  flexible  discharge  pipe  line  in 
the  waves,  and  that  more  time  would  be  lost  on  account  of  the 
weather  than  is  the  case  with  other  types  of  dredges.  As  a  mat- 
ter of  fact  the  proposition  has  been  reversed  and  with  the  im- 
proved design?  of  the  discharge  pipe,  the  dredge  suffers  less  delay 
on  account  of  weather  than  a  barge  loading  dredge. 

Pipe  lAne.  The  form  of  pipe  line  adbpted  (Fig.  15)  is  that 
of  a  central  conduit,  30  in.  in  diameter  carried  by  two  cylindrical 
air  chambers  33  in.  in  diameter,  the  three  being  rigidly  held 
togetherby  the  frame.  In  this  way  no  bolts  or  rivets  are  put 
into  the  air  chambers  and  they  may  readily  be  taken  apart.  'The 
sections  are  95  ft.  long,  it  having  been  found  that  shorteir  sec- 
tions did  not  operate  in  a  rough  sea  as  well  as  the  longer  ones. 
The  connections  between  the  sections  of  discharge  pipe  are  joined 
with  the  usual  rubber  sleeve,  but  the  pontoons  are  connected 
with  an  arrangement  which  embodies  the  ball-and-socket  prin- 
ciple, not.  in  the  pipe  itself,  but  in  a  strong,  steel  frame  above  the 
pipp.  This  has  proved  entirely  successful  and  the  practical  re- 
sult is  that  the  dredge  is  capable  of  continuing  at  work  in  all  but 
the  heaviest  weather.  The  ball  end  of  the  joint  is  solidly  bolted 
to  the  wood  frames  on  the  pipe,  while  the  socket  end  is  fitted 
to  slide  in  a  casing  or  frame  and  its  movement  is  resisted  by 
springs,  as  shown.  These  springs  are  heavy  car  springs,  and  are 
two  in  number..  The  springs  are  carried  between  spring  plates 
in  such  a  manner  that  they  are  compressed'  for  either  thrust'  dr 
pull  of  the  drawbar,  the  whole  arrangement  is  built  in  the  very 
strongest  manner  of  steel,  and  each  point  is  strong  enough 
vertically  to  carry  half  the  weight  of  aii  entire  pontoon  upon  it. 
In  other  words,  should  the  entire  buoyancy  be  removed  from  one 
pontoon  for  50  ft.  of  its  length  by  the  trough  of  a  wave,   its 
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weight  would   be    supported   upon   the   adjoining   pontoon   with 


In  order  to  provide  flexibility  of  the  pipe  at  the  point  of  leav- 
ing the  dredge,  a  swivel  elbow  is  employed  and  the  first  length 
of  pipe  is  short  and  connected  to-  the  elbow  by  a  pair  of  hinges. 
The  axis  of  the  hinges  is  horizontal  while  that  of  the  swivel  elbow 
is  vertical ;  thus  the  movement  of  the  pipe  is  universal.  The  pipe 
leaves  the  dredge  at  the  corner  in  order  to  permit  the  pipe  to 
radiate  from  the  dredge  at  any.  angle  through  three-fourths  of  a 
circle.  The  horizontal  hinges  at  the  swivel  elbow  will  permit  the 
main  pontoons  to  have  a  vertical  or  wave  movement  of  4  ft. 
The  pipe  is  attached  at  one  end,  to  the  dredge,  and  at  the  land 
end  to  a  terminal  scow  which  is  fitted  with  a  steam  winch,  by 
which  its  own  anchorage  is  controlled.  This  detail  of  passing  the 
discharge  line  onto  ^the  land  has  been  worked  out  in  the  practice 
of  the  last  two  years  so  that  it  is  expected  in  the  coming  season 
to  profit  by  the  results.  The  method  devised  for  future  use  is  to 
anchor  the  terminal  scow  at  the  farthest  point  of  fill,  and,  as  the 
fill  is  made,  to  back  the  terminal  scow  away,  thus  eliminating 
the  use  of  shore  pipe  entirely,  the  stopping  of  the  dredge,,  and 
preventing  a  loss  of  time  due  to  adding  shore  pipe.  The  length 
of  the  overhang  of  the  discharge  pipe  beyqnd  the  ternlinal  scow 
has ,  been  made  60  ft.  in  place  of  30  ft.  This  change  was  made 
to  prevent  the  scow  from  grounding  on  material  fiowing  back 
under  it  from  the  discharge,  a  trouble  which  has  previously  caused 
some  loss  of  time.  Experiments  were  made  of  passing  a  pipe 
through  the  break\jratBr,,  as  this  was  a  more  direct  line  from 
the  dredge  to  the  fill  when  the  dredge  was  working  in  the  open 
lake.  At  first  the  terminal  scow  was  tied  up  to  the  breakwater 
and  connected  to  the  land  pipe.  This  was  found  to  be  unsatis- 
factory because  the  scow  was  too  easily  affected  by  the  wave  ac- 
tion and  was  endangered  by  constantly  bumping  against  the  break- 
water. -  A  scheme  was  evolved  by  which  the  scow  was  done  away 
with :  entirely,  and  the  pontoons  were  connected  directly  to  the 
pipe  projecting  through  the  breakwater  from  the  land  side.  The 
first  floating  pontoon  was  guyed  to  the  breakwater  from  the  far 
end,  enough  slack  in  the  cables. being  allowed  to  permit  the  pon- 
toon to  take  a  reasonable  angle  to<  its  connection.  The  cables 
were  fastened  together  at  the  middle  with  a  special  clip  which 
could  be  loosed  with  one  blow  of  a  small  bar  so  that  a  quick 
release  could  be  obtained  in  case  of  necessity.  At  the  time  of 
exceedingly  rough  weather  the  dredge  with  its  trailing  pontoons 
could  then  be  towed  safely  and  easily  into  the  harbor. 

It  is  thus  seen  that  the  difliculties  attending  dredging  work  are 
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much  greater  for  work  on  the  Great  Lakes  than  .for  work  on 
smaller  lakes  or  upon  other  inland  waters.  The  time  lost  on  ac- 
count of  weather^  is  less  than  by  a  scow  loading  dredge  because 
such  dredges  are  compelled  to  stop  work  when  the  sea  becomes 
otily  so  rough  as  to  cause  hard  bumping  between  the  scow  and 
dredge.  The  time  lost  by  the  Francis  T.  Simmons  on  account  of 
weather  during  the  past  dredging  season  of  7  mos.,  lias  averaged 
18.2%.  In  1909  the  average  was  9%,  in  1908,  14.4%,  and  in  1907 
it  was  23.29fc.  During  the  1910  season  (Apr.  to  Oct.  inclusive), 
there  were  4,320  working  hr.,  of  Which  6i0.2%  was  spent  in  pump- 
ing, and  39.8%  lost.  The  foUowihg  record  for  September  ia 
typical: 

TIME  LOST  BY  DELAYS 

September,,  1910  Hri 

Total  available  time   600' 

Dredge  worked  381 

Delays 219 

Wpather    57 

SBort  pipe   , 32 

/Suction'.'pipe,  pumping  and  plug  .' 11 

'Pontoon  line 32 

Swinging  cables   15 

Main  'engine    24 

Spud    engine    ; % 

Cutter   engine    

Gutter   shaft   ' 

Moving  dredge  to  new  cut  5 

Towing  and  preparation    34 

MiscellElneous    1 

Stones , ', 7 

During  the  month  of  September  the  dredge  worked  11  days  from 
a  position  oiitside' the  breakwater  protection  and  11  days  in  the 
yacht  ha'rbor.  The  balance  of  the  time  was  taken  up  by  bad 
weather,  Sundays  and  holidays. 

.'The  cost  of  the  work  for  the  season  of.  1910  is  shown  below. 
The  items  of  tug  service  are  calculated  at  actual  cost  per  hr. 
of  service.  The  cost  of  operation  of  the  tugs  and  other  aux- 
iliary machinery  is  given  later. 

During  the  season  of  1910,  the  total  yardage  was  570,243, 
|he  dredge  being  in  commission  4,320  hr.,  and  the  cost  was  as 
follows:  ' 

Operation :  Per  cu.  yd. 

Labor $0.0243 

Fuel     ••■■•, 0300 

Supplies,  tools,  sleeves,  =— ,  etc 0076 

'  Commissary  labor  and  supplies  0104 

Field  repairs,  labor  and  material   0106 

;         Tug  service   0238 

Derrick  gervice    0005 

Motor   boat 0010 

Insurance     0060 
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Winter  repairs  and  fitting  up : 

Labor    0093 

Material     0037 

Fuel  commissary  and  tools  0018 

Tug    service    0013 

Totals 

Operation    1142 

Repairs 0161 

Operation  and  repairs —    $0.1303 

The  repairs  shown  with  the  operating  expenses  include  the 
minor  repairs  made  during  operation,  which  those  shown  under 
the  head  of  winter  repairs  are  for  repairs  made  during  the  win- 
ter season  in  preparation  for  the  work  of  the  summer  of  1910. 
Some  of  the  field  repairs  included  the  relining  of  several  pon- 
toon discharge  pipes.  This  work  coats  about  $225  per  pontoon, 
$125  for  material  and  $100  for  labor.  The  pipe  is  relined  with  a 
strip  of  %-in.  sheet  steel,  36  in.  in  width,  placed  in  the  bottom  of 
the  pontoon  to  fit  the  circumference.  The  pontoons  are  95  ft. 
'  long.  When  relined  they  are  expected  to  last  three  of  four  sea- 
sons. The  winter  repairs  consisted  of  overhauling  the  engines, 
boilers,  furnaces,  stokers,  and  replacing  steam  pipe  connections. 
The  engines  wCre  relined,  the  shafts  rebabitted  and  rebushed. 
The  heaviest  wear,  however,  is  on  the  cutter  mechanism.  The 
cutter  ran  two  years  without  renewal  of  blades.  The  next  blades 
put  in,  however,  will  probably  be  of  manganese  steel  and  are  ex- 
pected to  last  longer.  Tlie  centrifugal  pump  runner  lasts  about 
two  seasons  and  costs  $600.  It  is  of  cast  steel  with  a  steel  lin- 
ing on  the  blades.  The  other  repairs  consist  of  cleaning  and 
scraping  the  steel  hull  and  painting. 

Table  I  is  a  summary  of  the  costs  and  performance  of  the 
dredge  for  the  past  four  seasons,  or  since- the  dredge  was  built. 
It  must  be  noted  here  that  the  yardage  as  given  for  the  years 
1907-8  and  9  was  calculated  from  the  cut,  while  that  for  1910 
has  been  calculated  from  the  total  amount  in  place.  For  this 
reason  the  season  of  1910,  which  is  believed  to  have  been  the  best 
season's  work  yet  done,  does  not  show  well  in  the  comparison. 

The  operating  crew  of  the  dredge  is  as  follows: 

Per  month 

1  chief  operator    $150.00 

1  assistant   operator 126.00 

1  chief  engineman   150.00 

1  assistant  chief  engineman   110.00 

4  oilers    66.00 

4  firemen   66.00 

4  coal   passers    55.00 

2  spudmen    66.00 

1  janitor    55.00 

8  deckhands     v 55.00 
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,    Conuuissary : 

1  steward 86.00 

1  second    cook    40.00 

1  porter 40.00 

The  men  receive  their  board  in  addition  to  the  wages  listed. 
"They  work  two  12-hr.  shifts.  For  overtime  they  are  paid  time- 
and-a-half  and  if  worked  Sundays  (which  is  extremely  seldom), 
they  get  double  time.  All  overtime  is  paid  for  in  addition  to  and 
not  considering  their  regular  wage.  This  is  in  accordance  with 
the  union  rules  on  the  great  lakes. 

The  dredge  is  working  in  very  stiff  gumbo  clay  which  is  cov- 
ered with  a  layer  of  from  3  to  5  ft.  of  sand.  The  depth  of  the 
dredging  at  Chicago  is  from  18  to  35  ft.  and  the  material  was 
deposited  through  about  2,000  ft.  of  pipe. 

Cost  of  Oredge.  The  following  table  gives  the  list  of  items 
which  together  make  up  th€f  cost  of  the  dredge  as  it  was  put  in 
operation  in  1910: 

Engineering,  plans,  inspection,  etc : $    9,S16.45 

Contract  (1907)  with  2,000  ft.  pontoons  151,402.19 

Terminal  pontoon  scow  (1907) 1,227.88 

8  Jones  underfeed  stokers  (1908) 6,700.00 

6  pontoons    (1908) 10,485.00 

Miscellaneous    874.04 

Total $180,505.56 

Cost  of  Tenders.  In  connection  with  the  dredging  work  and 
other  construction  tributary  to  the  Park  Extension  work,  a  fleet 
of  tugs,  derricks  and  other  floating  apparatus  was  employed.  The 
cost  of  operation  of  each  of  these  for  the  past  year  is  given  below, 
together  with  the  original  cost;  maintenance  cost,  and  a  brief  de- 
scription of  the  apparatus. 

The  tug  Keystone  has  a  steel  hull,  87%  ft.  long,  19  ft.  beam, 
and  1 1  ft.  deep.  She  is  of  94  gross  ton  weight,  and  was  built  irf 
1891.  She  contains  1  fore  and  aft  compound  condensing  engin'e 
with  18  X  34-in.  cylinders  of  30  in.  stroke,  and  one  fire  box  marine 
boiler  14  ft.  long  by  102  in.  in  diameter  carrying  steam  at  125 
lb.     The  crew  is  as  follows : 

Per  month 
1  captain $165.00 

1  engineman    120.00 

2  firemen  at  65.00 

i  deckhand     '       65,00 

1  Bcowman    65,00 

1  watchman     66.00 

1  cook   including   supplies 225.50 

This  tug  was  in  commission  12  hr.  per  day.  Board  was  fur- 
nished the  men  in  addition  to  the  regular  wages.  The  tug  was 
purchased  by  the  Park  Commission  in  1905  at  a  cost  of  $13,983.19, 
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including  improvements,  and  was  fitted  with  Jones '  underfeed 
stokers  in  191Q  at  a  cost  of  $2,025,  making  its  total  cost  $16,- 
008.19s  It  has  been  in  commission  2,3l8  hr.  The  cost  of  opera- 
tion has  been  as  follows: 

■           ,  Cost 

Cost  per  hr. 

Labor    operation    $5,485.63  $2,336 

840, tons  coal  2,772.50  1.180, 

Supplies 915.56  .390 

Insurance    .■^■.. ..'..: 127.50   -  .055 

Labor  repairs    1,057.76  .460  ■ 

Material  repairs  , 903.06  .385 

Total  cost  of  operation   $9,301.19  $3,961 

Summarizing  we  get  the  following  costs: 

Total  cost  of  reiiairs $1,960.82. 

Cost 'of  operation  per  hr y      3.96i  '' 

,    Cost  of ,  operation  per.  day  ; 47.55 

Cost  of  repairs  per  hr .835 

Cost  of  repairs  per  day  10.05 

^        Cost  of  operation  and  repairs  per  hr.  . . '. 4.80 

Cost  of  operation  and  repairs  per  day  57.60 

This  tug  was.  used  mostly  for  towing  scows  loaded  with  loam 
for  park  purposes,  but  89  hr.  of  its  time  have  been  charged  to  the 
dredging. 

The  tug  Richard  B,  another  member  of  the  fleet,  is  76  ft.  long, 
^7  ft.,  beam,  and  7, ft.  in  depth.  She  has  a  wood  hull  and  is  rated 
at  63  gross  tons.  She  is  equipped  with  one  fore  sind  aft  com- 
pound condensing  engine  10  x  20-in.  cylinder  with  14-in.  stroke. 
Her  boiler  is  Scotch  Marine  type,  14  ft,  long  by  96  in.  in  diameter, 
and  carries;  125  lb.  of  steaip.  She  was  built  in  1906.  Her  crew 
consists  of  a  captain  at  $145,  an  engineman  at  $120,  a  fireman 
and  a  lineman  each  at  $65.  The  tug  was  purchased  by  the  Park 
Commission  in  1905  for  $8,744.55,  which  price  included  some  re- 
pairs and  improvements  made  on  it,  before  placing  it  in  com- 
mission. The  cost  of  operation  and  repairs  during  the  season 
of  1910  were  as  follows: 

Hours  in  commission    '. 1,118 

Hours   leased    732 

Hours  on  park  extension  386 

Cost 

'Labor  operation,   386  hr $    476.88 

Fuel,  386  hr 315.75 

Supplies 104.03 

Insurance    95.00 

Labor  repairs    (winter)    511.35    ;, 

Material'  repairs    j 634,41 

Towing  repairs    21;76 

Total  operation, .  386  hr 991.66 

Total  repairs, '1,118  hr 1,06T.52' 
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Total  operation  and  repairs 2,05918 

Total  cost  per  hr S^SS' 

Total  cost  per  day ..^....  42.36 

The  time  of  this  tug  was  charged  to  the  dredge  work  for  139 
hr.     It  was  in  commission  12  hr.  a  day. 

The  tug  Hausler,  the  last  of  the  three  tugs  belonging^  to  the 
fleet,  is  72  ft.  long,  18  ft.  beam,  9  ft.  deep,  and  is  rated  at  61 
gross  tons.  She  was  built  in  1893  of  wood.  Her  machinery  con- 
sists of  1  vertical  non-condensing  engine,  22  x  4;4-in.  cylinder  with 
24-in.  stroke.  She  has  1  fire  box  marine  boiler,  14  ft.  long  x  96 
in.  in  diameter,  carrying  135  lb.  of  steam.  Her  crew,  a  double 
crew,  during  the  past  season  each  consisted  of  a  captain  at  $163, 
an  engineman  at '$120,  and  two  fireinen  and  one  deckhand  at  $65. 
She  was  in  commission  24  hr.  per  day.  This  tug  was  purchased 
in  1908  for  $10,500.  The  cost  of  operation  and  repairs  for  the  ~ 
season  of  1910  is  as  follows,  for  5,537.5  hr.  in  commission:  ' 

■  I  Cost' ' 

Total  per  hi;. 

Labor    operation $  8,283.92  J1.496 

Fuel,   773  tons   ; 2,903.00  524             ^ 

Supplies ,.    I  369.65  .667 

Insurance    , 250.00  .045 

"Laboi-  repairs "1,317.26  .^38 

'           Material   repairs    • 1,897.63  .343 

Towing   repairs    14.12 

Total    operation    ; 11,806.57  2.13 

Total  repairs    3,224.01  .59 

Total  cost 15,036.58  2.72 

This  tug  devoted  nearly  all  its  tim'e  to  the  dredge. 

The  motor  boat  which  was  used  for  transportation  of  the  men 
and  for  other  purposes  was  purchased  in  1907  for  $1,150  and 
operated  for  7%  months  during  the  season  of  1910.  Its  cost  for 
the  season,  time  in  commission  7^  months,  was  as  follows: 

Labor    operation $449.14 

Labor   repairs    ;- 62.80 

Supplies     264.36 

Derrick,  2  hours  at  $1.60  3.20 

Total  cost $779.50 

Cost  per  month    103.92 

Cost  per  day  i ; 4.00    . 

About  146  days  of  the  motor  boat's  time  was  charged  to  ;the 
dredge. 

The  floating  derrick,  which  was  employed  for  various  duties  on 
all  the  work,  was  purchased  in  1905  at  a  cost  of  $5,287,26,;  .Its 
cost  of  operation  for  the  past  season  is  as  follows:  , 
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Hours  in  commission  1,783.5   - 

Labor   operation    : . ; Jl,831.29 

Fuel  and  supplies 59».07 

Insurance    • 100<:00 

Labor  repairs   268.70 

Towing , 17.62 

Total    $2,856.68 

Total  cost  of  repairs  ' 286.32  • 

Total  cost  of  operation .^2/570,36 

Total  cost  per  hr '. "  '1.60 

Total  cost  per  day ;  - 16.00 

The  flerriek  was  in  commission  10  hr.  per  day  and  was  oper- 
ated by  a  crew  consisting  of  an  engineer  and  fireman  with  a 
varying  nimiber  of  deckhands  —  usually  about  four. 

Engineering  and  Contracting,  Apr.  9„  1913,  gives  the  follpwing 
additional  data: 

A  total  of  3,662,525  cu.  yd.  of  hydraulic  dredge  fill  has  been 
completed  in  the  work  : of  reclaiming  for  Lincoln  Park,  Chicago, 
an  area  of  200  acres  from  Lake  Michigan.  The  average  cost  of 
this  fill  has  been  141^  ct.  per  cu.  yd.  Altogether  139.06  acres  have 
been  reclaiined. 

The  dredging  was  done  by  the  30-in:  hydraulic  pipe  line  dredge 
built  in'  1907  and  in  commission  from  April  8  to  Nov.  16,  1912, 
a  period  of  4,524  hr,.,  of  which  2,954  hr.,  or  65%  of  the  time,  was 
employed  in  pumping.  The  weather  throughout  the  season  was 
very  unfavorable  for  dredge  operation  outside  of  the  breakwater 
and  work  was  confined  within  the  yacht  harbor  about  half  the 
season.  The  j^ardage  dredged  in  1912  was  899,701  cu.  yd.  The 
time  report  of  the  dredge  may  be  summarized  as  follows: 

Total  working  hours 4,524 

■  Hours  delay : 

Weather,  10%   451 

Other  causes,  25%  1,119- 

Total  delays,  135%   1,570 

Time  pumping 2,954 

The  cost  of  operating  the  dredge  is  gi*en  below.  In  this  table 
the  items  "  repairs  "  include  only  those  repairs  made  during  the 
operating  season.  The  cost  of  the  more  extensive  overhauling 
repairs  made  during  the  season  during  which  the  dredge  was.  out 
of  comniission  are  shown. 

The  items  for  tug  service,  derrick,  motor  boat  scows,  etc.,  are 
prorated  from  the  accounts  showing  the  cost  of  operating  these 
pieces  of  plant.  The  cost  of  operating  a  derrick,  or  a  tug,  for  ex- 
ample, is  kept  account  of  throughout  the  season  and  the  cost  per 
hr.  is  obtained.     Its  time  is  then  distributed  to  the  various  jobs 
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upon  which  it  has  served  and  charged  against  each  job  at  its 
calculated  cost  per  hr.  The  cost  of  operation  for  899,700  cu.  yd. 
was  as  follows: 

Labor  operating   $16,506 

Oommissary ; 

J'»''%    ■ 1,500 

SiPPlies     5,560        ' 

Total i  7,065 

Repairs : 

Jfbor J  3_873 


Materials 


8,444 


Total    $12,317 

Attendance ; 

Tug    service    $18,804 

Motor   boat    853 

Scows    410 

Teams \  40 

Derrick    ' 1703 

Total    A $21,810 

J'lel 17,901 

Dredge  supplies    4,783 

Administration     2,473 

Insurance . ;     /4,250 

Grand  total  at  9.7  ct $87,105 

COST  OF  OVERHAULING  REPAIRS  DURING  WINTER 
Item       '     ''  ' 

Labor    $  8,667 

Fuel 1,195 

Materials .: 4,587 

Dredge  supplies 443 

Commissary  supplies 564 

Service,  tugs,  derrick,  teams  ' 782 

Total  repairs $16,238 

Repairs  per  cu.  yd.  excavation  1.8  et. 

The  ground  on  which  the  Panama  Paciflc  International  Ex- 
position was  built  was  submerged  in  many  places,  the  average 
high  tide-level  being  about  elevation  —  5.5.  ft.  and  the  average 
elevation  of  the  non-submerged  section  of  the  height  was  about 
-f  1.5  ft.  About  1,300,000  cu.  yd.  of  fill  were  pumped  into  the 
submerged  area,  bringing  the  surface  to  elevation  — 2.75.  Th^ 
materilal  in  the  fill  averaged  from  16  to  17%  sand,  the  remainder 
being  mud  and  silt.  Due  to  the  superior  weight  and  density 
of  this  material  it  crushed  its  way  2  to  5  ft.  into  the  soft  sand 
and  ooze  of  the  old  bottom  to  such  an  extent  that  where  the  or- 
iginal sounding  sho'Vfred  elevation  — ^  15  the  actual  bottom  of,  the 
fill  was  nearer  elevation  — 20. 
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Breaking:  'Cp  Clay  for  Bredging.  .  This  is  described  in^  Engi-, 
neering.  and  Contracting,  Feb.  12,  ,1908.  The  foundation  walls  for 
a  bridge  were  sunk  through  sand  and  clay,  the  latter  being  •  dark 
blue  and  very  hard.  It  was  brittle  when  quite  dry,  but  like 
leather  when  under  water.  A  dredge  was  used  to  remove  the 
overlying  sand  but  could  make  no  impression  on  the  clay.  Ac- 
cordingly the  following  method  of  breaking  up  the  clay  was  em- 
ployed: Five  double-headed  rails  each  20  ft.  long,  and  weighing 
GO  lb.  per  yd.,  were  riveted  together.  Two  outer  rails  were 
splayed  outward  like  a  trident  and  were  sharpened.  The  center 
rail  was  also  sharpened,  and  the  two  others  were  out  off  at  about 
2%  ft.  from  the  end.     This  arrangement  was  worked  up  and  down 


Fig.  16.     Scraper  for  Lowering  Sand  Bars. 

by  a  steam  hoist,  and,  being  top  heavy,  when  it  was  driven  into 
the  clay  it  tended  to  fall  over,  thus  breaking  up  the  clay.  In 
this  manner  a  hole  1  ft.  deep  and  131^  ft.;  in  diameter  could  be 
dug  and  dredged  in  24  hr. 

Scraper  for  lowering  the  Crest  of  Sandbars.  For  teinporarily 
inej-easing  the  depth  on  a  sandbar  in  the  Mississippi  River, 
scrapers  were  used.  Fig.  1ft.  .This  device  was  invented  by  Col. 
Stephen  H.  Long,  Corps  of  Engineers,  U.  S.  Army.  It  consisted; 
of  a  triangfular  frame  of  oak  timber,  with  buckets  or  cutters  of 
boiler  n»(jp.  bolted  to  the  lower  side.  It  "was  attached  by  bolts 
to  the' sides  of  a  boat  and  was  raised  or  lowered  by  two  ropes,  one 
of  which  Was  fastened  to  the  bow  of  the  boat  and  passed  under 
a  pulley  near  the  lower  end  of  the  frame;  thence  over  a  pulley 
on  a  bow  sprit  projecting  from  the  boat,  and  thence  to  the  forward 
steam  capstan.  The  other  rope  was  attached  to  the  apex  of  the 
triangular  frame,  passed  over  a  pulley  connected  to  the  shear 
boom  and  thence  to  an  aft  capstan.  The  method  of  operating 
this  scraper  was  to  move  the  boat  to  the  head  of  the  shoal  to  be 
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dredged,  and  lower  the ,  scraper  on  the  bar.  The  steamer  was 
then  backed  so  as  to  drag  the  scraper  ovpr  the  bar,,  the  floats 
floating  with  the  stern  down  stream.  ,  After  having  been  dragged 
across  the  bar,  the  scraper  was  raised  out  of  the  water  and  the 
steamer  returned  to  the  initial  point.  The  operation  was  then 
repeated  until  the  desired  depth  was  obtained.  The,  buckets  cut 
up  and  loosened  the  material  on  the  bar  and  then  conveyed  it 
down  stream  and  deposited  it  in  deep  water,  being  assisted  in, the 
movement  of  the  material  by  the  river  current.  These  scrapers 
are^ieffeetiye,  for  temporarily  increasing  the  depth  on  a  bar.;  bui;. 
for  work  of  permanent  character,  the  ordinary  dipper  dredge  is 
more  economical. 

Sweeping  and  Cleaninir  Up  a  Dredged  Channel.  A  combined, 
diving,. sweeping  and  derrick  scow,  used  in  cleaning  up  a  dredged 
channel  in  the  Delaware  and  Schuylkill  River  channel  improve^ 
ment  at  Philadelphia,  is  described  in  Engineering  and  Contracting, 
Apr.  10,  1907.  A  small  dump  scow,  carrying  a  hoisting  engine 
and  den-ick,  was  used  for  the  work.  The  middle  pocket  of  the 
scow  was  floored  over  a  fe\f  feet  above  the  vpater  line  and  housed 
in.'  Two  small  winding  drums,  fitted  with  cranks,  ratchets  and 
pawls,  were  placed  at  the  two  corners  of  the  stern  or  hoisting;  end; 
of  the  scow.  Upon  each  drum  was  wound  about  40  ft.  of  light 
steel  wire  hawser,  the  ends  of  which  were  connected  to  a  steel 
sweeping  bar,  1  in.  by  6  in.  by  30  ft.  in  length.  Both  hawsers 
were  graduated  at  the  required  lengths  from  the  cross  or  sweep- 
ing bar  in  alternate  black  and  white  foot  marks  corresponding 
to  the  marks  on  the  dredging  tide  gage.  Bow,  stern,  starboard 
breast  and  pxjrt  breast  anchors  held  the  scow  in  position,  the  scow 
being  moved  over  the  shoal  places  by  the  action  of  the  current,  the 
rate  and  direction  of  motion  being  -controlled  by  the  anchor  lines. 
In  operation,  the  scow  was  brought  to  the  desired  position  by  the 
ahchor  lines,  and  the  sweeping  bar  lowered  to  the  desired  depth  as 
indicated  by  the  height  of  water  on  the  tide  gage.  The  diver  then 
descended  and  grasping  the  sweeping  bar,  walked  along  the  bot- 
tom witli  the  current.  When  the  bar  struck  an  obstruction  above 
the  grade  ,lihe,  the  watchmen  in  charge  of  the  winding  driims  were 
aware  of  the  fact,  as  well  as  the  diver.  The  movement  of  the 
scow  was  stopped  instantly  and  the  diver  removed  the'  obstruction, 
tools  being  lowered  to  him  if  necessary.  He  then  placed  a  chain 
around  it  and  attached  it  to  the  derrick  hoist,  by  means  of 
which  it  was  lifted  to  the  deck.  The  work  was  done  in  an  en- 
tirely satisfactory  manner,  at  a  cost  said  to  be  not  more  than  oiie- 
Half  of  that- of  operating  a  dredge  in  an  teflfort  to  perform  like 
work.     Two  divers  Were  employed.  Working  6-hr.  shifts. 

Cost,  life  and  Repairs  of-  Barges,  Tow-Boats,   and  Dredges. 
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The  following  is  taken  from  Engineering  and  Contracting',  July 
17,  1912,  being  an  abstract  of  an  article  by  Mr.  C.  W.  Durham 
in  Professional  Memoirs: 

During  a  period  of  30  years  (1881-1911)  the  upper  Mississippi 
improvement  has  owned  and  employed  282  barges  (scow),  12 
barges  (model),  90  quarter-boats,  oflSce-boats  and  store-boats,  3 
steam  drill-boats,  4  dipper  dredges,  5  hydraulic  dredges,  7  pile 
drivers,  23  dump  boats,  3  snag-boats,  16  tow-boats  of  various 
sizes,  and  a  very  large  number  of  small  steam  and  gasoline 
launches,  motor  and  ordinary  skiffs,  pontoons,  and  other  small 
pieces.  ' 

Scow  Barges.  100x20x4^  ft.  is  the  standard  size  of  all 
100-ft.  barges  hereafter  mentioned.  This  district  also  uses  a 
standard  barge,  110x24x5  ft.,  of  practically  the  same  con- 
struction as  the  100-ft.  barge,  and  for  the  purposes  of- this  article 
the  same  design  applies  to  all  barges  and  to  quarter-boat  and 
drill-boat  hulls;  except  the  model  barges  arid  those  bottom  planked 
fore  and  after. 

The  barges  used  in  the  earliest  years  of  this  improvement  for 
carrying  Tock  and  brush,  were  mostly  of  smaller  size  (80x16x4' 
ft.)  than  those  at  present  employed,  where  built  of  white  pine,, 
and  with  calking  and  nominal  repairs,  gave  good  service  for 
periods  ranging  from  8  to  11  years.  The  first  cost  of  these 
averaged  $675  in  1882. 

Early  in  the  improvement  six  oak  model  barges,  135  x  26  x  51^ 
ft.,  were  built  on  the  Ohio  River,  three  by  Howard,  of  Jefferson- 
ville,  Ind.,  and  three  by  Cutting,  of  Metropolis,  111.  These  barges, 
numbered  60-62  and  88-90,  were  built  in  1882  at  $3,500  each, 
and  were  not  condemned  until  1901,  but  for  five  or  six  years  pre- 
vious the  repairs  were  very  heavy.  These  barges  were  in  use 
18  years. 

Sixteen  barges  ( 100  x  20  x  4  ft. )  of  white  pine  cost  $770  each 
in  1891,  and  had  a  life  of  7  years,  during  which  the  repairs 
averaged  $42  a  year  per  barge. 

Nine  barges  ( 100  x  20  x  4  ft. )  of  Douglas  fir  cost  $800  each  in 
1892,  and  had  a  life  of  15  years,  during  which  the  repairs 
averaged  $70  a  year. 

Six  white  pine  barges  (120x20x5)  cost  $1,300  each,  in  1891, 
and  had  a  life,  of  21  years  during  which  they  rebuilt  once;  but 
the  entire  repairs  and  rebuilding ,  averaged  only  $12  each  per 
year. 

Dump  Scows.  Twelve  dump  scows  (78x  18  ft.)  of  &  side  pock- 
ets;, e^ch  cost  $1,650,  built  from  1885  to  1896.  Their  useful  life 
averaged  8  years,  whether  of  oak  or  fir.  The  annual; repairs 
a,yeraged  $140  a  year,  or  nearly  9%. 
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Tow  Boats.  Two  large  tow  boats  built  in  1881,,  cost  $12^000 
each.  Their  hulls  were  100  x  19  ft.,  boiler  22  ft.  x  42  in.  After 
30  years'  service  they  were  "fair"  (needing  extensive  repairs). 
The  two  hulls  were  replaced  in  1895  and  1899,  the  repairs, for 
each  boat  being  about  $5,000:  for  each  of  those  years.  Inclusive 
of  these  new  hulls,  and  new  boilers  in  1895  for  one  of  the  boats 
($3,000),  the  average  annual  repairs  over  the  period  of,  30 
years  were  $1,000  per  boat  per  year,  or  about  8%  of  the  first 
cost. 

'  Two  small  tug  boats  were  built  in  1885,  at  a  cost  of  about 
$3,800  each.  At  the  end  of  25  years  the  annual  repairs  on  each 
had  averaged   $460,  inclusive  of  hull  renewals. 

Two  small  tug  boats  were  built  in  1889  at  a  cost  of  $4,000 
each;  the  hull  bdng  oak,  67x12x3  ft.,  boiler  10  ft.  x34  in., 
cylinders  6  x  28  in.  After  21  years  they  were  in  good  condition, 
the  repairs  during  that  period  having  averaged  $450  each  per 
year,  including  three  hull  renewals,  or  1%  hulls  per  boat  in  21 
years.  A  similar  tug  boat  with  a  steel  hull  cost  $5,100  in  1889, 
and  its  repair^  averaged  $360  a  year  for  25  years,  or  7% 
annually. 

"Dredges.  The  "  Ajax "  is  a  dipper  dredge  built  in  1876,  oak 
hull  (80x30x8  ft.),  at  a  cost  of  $11,300.  The  hull  was  re- 
newed in  1894.  At  the  end  of  1910' it  was  in  good  condition,  the 
repairs  and  renewals  having  averaged  $1,030  a  year  for  34  years, 
or  9%  yearly. 

The  Vulcan  dipper  dredge,  built  1883,  cost  $19,450,  and  its  an- 
nual repairs  up  to  end  of  1910  had  averaged  $1,350,  including  hull 
renewals.  It  has  oak  hull,  80  x  30  x  8  ft. ;  nominal  repairs  to 
1890;  hull  rebuilt  in  1892-1893  and  1908-1909;  condition  now 
good,  although  annual  repairs  have  been  large  for  the  past  eight 
years. 

The  Phoenix,  built  1885,  oak  hull,  80x8  ft.;  nominal  repairs 
to  1890,  hull  rebuilt  in  1895-1896;  burned  and  entirely  rebuilt 
using  a  portion  of  the  old  machinery  in  1908-1909,  at  a  cost  of 
$19,581,  now  in  good  condition.  First  cost  was  $19,525,  and 
the  annual  cost  of  repairs  and  renewals  has  averaged  $1,600. 

The  Hecla,  15-in.  suction  dredge,  with  eleven  pontoon's,  built 
by  United  States  in  1901;  hull,  fir  and  oak,  120  x 26x5.  ft.;  re- 
built 1909-1910;  good  condition.  Its  first  cost  was  $27,700,  and 
the  repairs  have  averaged  $2,300  a  year  for  9  years,  or  about 
8.3%.- 

The  cost  of  repairs  and  renewals  by  years  will  be  found  in  the 
article  from  which  the  foregoing  is  abstracted. 

Cost  of  Repairing  Barges.  Mngineering  and  Contracting,  k^r. 
24,  J9I2,  gives  the  following:  '  A  comparison  of  costs  of  repairs 


756 


HANDBOOK  OF  EARTH  EXCAVATION 


to  barges  constructed  of  treated  and  untreated  timber  ds  made 
In  a  paper  presented  to  the  American  Wood  Preservers'  Asso- 
ciation, by  A.  E.  Hageboeck,  United  States  Inspector  at  Rock 
Island,  111.  Some'  200  barges  are  now  maintained  for  river  im- 
provement viroTk  in  the  Rock  Island  District,  and  records  of  the 
maintenance  costs  of  these  barges,  which  arc  all  of  a  standard 
size  (lOOx  20x  4:ft.  7  in.),  are  had  for  the  last  20  years.  The 
coraparaitive  costs  given  by  Mr.  Hageboeck  are,  therefore,  based 
on  unusually  comprehensive  records. 

In  conatrwcting  light  draft!  barges  it  has  been  the  policy  to 
Use  pressure  creosoted  fir,  as  fir  can  be  obtained  in  long  lengths 
at  a  reasonable  cost.    Long  timbers  are  especially  desirable;  in 
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Fig.  17.     Average  Cost  of  Repairs  and  Life  for  Untreated  Douglas 
i  -  ., ,  Fir  Barges. 


barge  construction,  as  tliey  reduce  to  a  minimum  the  number 
of  gunwale  joints  which  are  always  the  first  to  cause  trouble 
by  leaking.  Besides  being  cheaper  in  cost,  both  before  and  after 
creosoting,  the  fir  is  lighter^  resulting  in  a  draft  of  but  9  in. 
for  a  standard  barge  100x20x4  ft.   7   in. 

Kinds  of  Treatment  Used  in  Barge  Construction,  The  first 
creosoted  barges  used  in  this  country  were  built  in  1900  of  pres- 
sure treated  yellow  pine  by  the  New  Orleans  office  of  .the  .1].  S. 
Engineer  Corps.  These  barges  are  ^today  in  a  perfect  state  of 
preservation,  and  in  all  probability  will  be  used  for  10  to, ,12 
years  longer.  The  cost  of  repairs  has  been  light,  and  the  results 
so  satisfactory  that  no  untreated  barges  are  now  built  by  that 
office. 

The  Rock  Island  District  formerly  used  the  open-tank  treat- 
ment.    The  penetration  was  usually  superficial,  but  the  cost  is 
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only  5%  of  the  total  cost  of  a  flr  barge.  Last  fall  ithe  writei' 
inspected  a  large  number  of  these  fir  barges  built  in.  1908, land 
in  no  case  was  any  evidence  of  decay  found  on  the  treated  tim- 
bers, wliile  in  a  number  of  cases  the  untreated  timbers  had 
reached  an  advanced  stage  of  decay.  It: is,  therefore,  evident  that 
the  small  cost  of  this  treatment  will  pay  good  returns  on  the 
money  invested.  In  the  case  of  90%  heart  Loiig  Leaf  Pine,  the 
same  conditions  exist,  as  the  penetration  on  the  heart  surfaces 
is  usually  superficial.  With  Short  Leaf  and  Lobolly  pine  it  has 
been  our  experience  that  so  much  oil  is  required  to  saturate  the 
sap  that  it  often  Costs  more  than  a  10-lb.  pressure  treatment, 
For  treating  barge  timbers  the  pressure  treatment  has  a  number 
of  advantages  that  make  it  a  far  more  economical  treatment. 
,  First,  ffom  a  treating  standpoint,  it  is  possible  to  treat  either 
green  or  seasoned  lumber.  Second,  the  exact  quantity-  of  oil 
injected  can  be  ascertained  by  the  temperature  and  gage  read- 
ings. Third,  the  entire  treatment  can  be  regulated  to  meet  the 
requirements  of  each  particular  charge.  Fourth,  it  is  possible  to 
plug  the  ends  of  the  timbers  and  thereby  retard  the  absorption: 
of  moisture.  Fifth,  the  penetration  of  oil  is  far  more  uniform. 
The  last  two  factors  tend  to  eliminate  the  so-called  "  working  " 
of  the  timbers.  This  is  an  important  item  in  barge  construc- 
tion, as  it  is  a  well-known  fact  that  a  barge  built  of  green, 
untreated  lumber  will  usually  cause  trouble  from  leaking,  due  to 
the  subsequent  shrinkage  of  the  timber  as  it  dries,  and  the 
consequent  opening  of  the  seams  and  loosening  of  the  oakum. 
Even  after  the  lumber  has  once  become  dry  it  readily  ^  absorbs 
moisture  during  a  wet  period,  and  again  gives  it  up  during  a 
diy  period,  and  as  a  result  an  untreated  barge  is  re-calked  every 
year  after  its  fourth  or  fifth  year  in  service.  The  pressure  treat- 
ment has  largely  eliminated  this  re-calking  and  so  materially 
reduced  the  cost  of  repairs.  '  ■'  ; 

Life  of  Untreated  Yellow  Pine  Barges.  On  the  Mississippi 
River,  between  St.  Paul  and  St.  Louis,  untreated  yellow  pine  has 
been  used  but  little,  and  the  writer  has  been  unable  to  obtain 
any  accurate  records  of  its  lasting  qualities.  It  is  generally  be- 
lieved that,  unless  timber,  practically  free  from  sap  is  obtained, 
its  life  would  be  exceedingly  short.  On  '  the  Lower  Mississippi 
River  a  yellow  pine  untreated  barge  containing  a  minimiim  pro- 
portion of  sappy  timber  is  past  economical  repairs  ftt  the  end 
of  10  years.  ;  '     ' 

Life  of  Pressure-Treated  Yellow  Pine  Barges.  Pressure-treated 
yellow  pine  barges  have  been  used  on  the  lower  rivei'ifor  12,  years. 
These  batges  are  today  in  a  perfect  state  of  preservation,  and 
without ;  doubt  are  good  for  an  additional  life  of   10  years.     It 
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has  been  found  necessary  to  re-calk  the  barges  after  two  years' 
service,  but  otherwise  the  repairs  have  been  small,  and  but  little 
further  re-calking  seems  necessary  during  the  life  of  the  barge. 
One  reason  given  fori  this  re-calking  is  that  the  creosote  oil  acts 
on  the  oakum  and  "burns"  it  out.  As  a  matter  of  fact,  how- 
ever, the  lumber  in  these  barges  was  treated  while  in  a  green 
^  condition,  and,  the  real  necessity  for  re-calking  is  due  to  the 
subsequent  shrinkage  of  the  timber  and  consequent  opening  oi  the 
seams  and  loosening  of  the  oakum. 

•  On' the  Lower  ,Mississippi  River,  where  there  is  always  a  good 
stage  of  water,  light  draft  is  not  a  controlling  factor,  and  so 
barges  120x30x6  ft.  are  in  general  use.  The  original  cost  of 
these  untreated  yellow  pine  barges,  built  in  the  early  90's,  we^s 
about  $3,000;  the  cost  of  repairs  during  the  life  of  10  years 
averaged  $2,006  per  barge. 

The  original  cost  of  similar  barges  built  of  pressure  creosoted 
yellow^  pine  was  $4,000 ;  the  annual  cost  of  repairs  oh  10  barges 
averaged  $557  each.  The  life  of  the,  untreated  barge  is  10  years, 
as  against  22  years  for  the  treated  barge. 

Life  of  Untreated  Douglas  Fir  Barge  and  Cost  of  Repairs. 
With  few  exceptions  the  necessity  for  repairs  to  an  untreated 
barge  are  due  to  decay  and  not  to  mechanical  abi:asions.  Ordi- 
narily- the  decks  of  barges  used  for  rock  transportation  will  first 
decay  on  the  bottom  side  at  the  points  of  crossing  other  timbersj 
aiid  in  this  weakened  condition  are  easily  broken. 

It  has  been  necessary  to  replace,  plank  originally  2^  in.  thick, 
which  after  eight  years  of  service  were  2%,  in.  thick,  because  of 
their  decayed  condition,  and  not  because  of  wear.  It.  is  not 
uncommon  to  find  evidence  of  decay  on  untreated  barges  after 
three  years  of  service. 

The  repair  costs  used  in  Eig,  17  have  been  obtained  from  the 
plant  records  of  the  U.  S.  Engineer  office  at  Rock  Island,  III., 
covering  Douglas  fir  barges  in  use  for  the  past  twenty  years  in 
connection  with  the  work  of  improving  the  Upper  Mississippi 
River,  between  St.  Paiil  and  St.  Lpuis.  In  the  past  untreated 
fir  barges  were  kept  in  service  10  to  17  years,  the  average  life 
being  15  years.  The  diagram  is  intended  to  show  the  usual  cost 
of  repairs  from  year  to  year  during  the  life  of  an  untreated 
Douglas  fir  barge._  New  barges  are,  as  a  rule,  .used  for  rip-rap 
rock  transportation,  this  service  requiring  a  substantial  craft. 
From  the  diagram  it  will  be  noted  that  during  the,  sixth  and 
seventh  years  the  barges  required  extensive  repairs,  the  cost 
ranging  from  $200  to  $300  per  barge;  that  with  repairs  costing 
about  $75  per  year  they  continued  in  hard  service  to  the  tenth 
or  twelfth  year;   that  they  then  required  large  repairs  and  had 
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to  be  taken  from  roek  work  and  plaeed  in  the  brush  carrying 
service,  which  is  much  less  severe  on  account  of  the  large  de- 
crease in  weight  per  cu.  ftr.  of  load.  From  this  time  on  to  the 
end  the  cost  of  repairs  per  barge  is  largely  increased;  and  it  is 
debatable  whether  it  would  not  be  fully  as  economical  to  abandon 
the  barge  at  about  the  tenth  or  twelfth  year. 

Life  of  Pressure-Treated  Douglas  Firr  Barges  and  Cost  of  Re- 
pairs. It  seema  safe  to  estimate  the  life  of  crepsoted  fir  barges 
at  20  years,  since  untreated  barges  have  given  an  average  life 
of  15  years.  The  major  portion  of  the  repairs  on,  an  untreated 
barge  are  for  calking  and  repairs  to  deck,  rake  and  gunwale  joints 
on  account  of  decay.  As  the  present  tendency  is  to  air'  season 
the  flr  before  treatment,  it  seems  natural  to  believe  that  the 
barges  will  give  a  long  service  without  recalking,  as  was  the  case 
of  the  crepsoted  barges  used  on  the  lower  river,  as  cited  above. 
As  an  additional  precaution  it  is  thought  advisable  to  protect 
the  creosoted  deck  with  a  1-in.  wearing  surface  of  untreated  ma- 
teriai.  The  repairs  to  the  deck  are,  therefore,  confined  to  the 
occasional  relaying  of  this  protection. 

The  average  cost  of  repairs  on  31  fir  barges  (100x20x4.5  ft.) 
used  on  the  Upper  Mississippi  River  was  $73  per  year  per  barge 
diiring  an  average  life  of  15  years.  The  original  cbst'of  such 
an  untreated  barge  built  today  would  be  approximately  $1,200. 
On  this  basis,  with  interest  at  5%,  the  cost  per  untreated  fir 
barge  per  year  would  be  $236,  as  compared  with  $177  yearly 
cost  for 'a  creosoted  fir  barge,  or  a  difl'erence  of  $59  per  year 
in  favor  of  the  creosoted  barge.  The  first  cost  of  a  treated  barge 
of  this  size,  is  $1,500,  and  its  annual  repairs  $20.  The  first  cost 
of  a  steel  barge  of  this  size  is  $4,000,  and  its  life  may  be  esti- 
mated at  25  years. 

The  figure  for  interest  on"  repairs  was  obtained  in  this  way: 
First,  the  average  cost  per  year  for  repairs  on  31  average  un- 
treated barges  was  obtained,  and  the  interest  figured  from  the 
time  the  repairs  were  made  until'  the  barge  was  condemned. 
The  figure  for  interest  on  repairs  of  the  creosoted  barges  was 
obtained  by  proportion. 

Cost  of  Year's  Operation  of  Marine  Plant  for  Construction  of 
Lincoln  Park  Extension,  Chicago,  111.  The  cost  of  qperation  and 
repairs  during  the  year  1912  for  three  tug  boats,  a  pile  driver, 
a  derrick  and  a  motor  boat  is  given  in  the  accompanying  table 
which  are  taken  from  Engineering  and  Contracting,  March  26, 
1013.  This  plant  was  used  in  connection  with  the  dredging  and 
breakwater  construction  for  the  extension  of  Lincoln  Park, 
Chicago. 

The  tug  Keystone  is  the  largest -of  the  three  tugs  and  is  rated 
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at  94  gross  tons.  She  was  built  in  1891  and  has  a  steel  hull, 
8^^  ft.  longj  19-ft.-  beam,  a^id  U  ft.  deep.  She  is  equipped  with 
one  fore  and  aft  compound  condensing  engine  with  18x34-in. 
cylinders  of  30-in.  stroke,  and  one  Are  box  marine  boiler  30  ft. 
long  by  102  in.  in  diameter. 

TABLE    I.    OPERATION  AND    REPAIRS  —  TUG    "  KEYSTONE  " 
In  commission  2,125  hours 

Operation:  Totals 

Labor     ;  5,284.74 

Fuel    ?, 469.15 

Supplies    1,105.12 

Insurance    147.00 

Miscellaneous 1.93 

Total    ?10,007.94 

.    Repairs : 

LaW  ' $  2,975.45 

<  Material    4,239.04 

Service  of  other  plant  485.63 

Total    repairs    $7,700.12 

Total  operation  and  repairs   ^ 17,708.06 

Total  cost  per  hr 8.33 

The  tug  Richard  B  was  built  in  1906.  She  has  a  wood  hull 
76  ft.  long,  17Tft.  beam  and  7  ft.  in  depth,  and  is  rated  at  63 
gross  tons.  Her  engine ,  is  fore  and  aft  compound  condensing, 
with ,  lOx  20-ii).  cylinder,  and  14-in.  stroke.  Her  boiler  is  of 
the  Scotch  Marine  type, .  14  ft.  long  by  96  in.  in  diameter. 

TABLE    II.    OPERATION   AND   REPAIRS  —  TUG   "  RICHARD  B  " 
In  commission,  2,963  hours 

Operation:  Totals 

Labor     $4,619.47 

Fuel    ■ 1,467.45 

Supplies     '. -713.06 

Insurance    114.50 

Total  operation $6,914.48 

I  Repairs: 

Labor    i  1,061.00 

Material    1,493.37 

Service  of  other  plant 47.95 

Total   repairs    $2,602.32 

Total  operation  and  repairs  9,516.80 

Total  cost  per  hr 3.22  ^ 

The  tug  Bausler  was  built  in  1893  of  wood  and  was  purchased 
for  its  present  work  in  1908  for  $10,500.  She  is  rated  at  61 
gross  tons  and  is  equipped  with  one  vertical  non-condensing  en- 
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gine,  ,22x44  in.,  24-in.  stroke.  She  has  one  fire  box  marine 
boiler,  14  ft.  long  by  96-in.  diameter,  and  carries  135  lb.  of  steam. 
The  other  tugs  each  carry  125  lb.  of  steam, 

TABLE   III.    OPERATION   AND   REPAIRS  —  TUG   "  HAUSLER  " 

In  commission  5,730  hours  '  •■-- 

V       Operation :  Totals 

Labor     , $  9,532.94 

'      Fuel :...... JL...  3,46*.3(Jl;  r 

Supplies 1,U2,U   , 

Insurance     288125          ' 

Total    , ?...,......',',..  $14,397  j63         . 

Repairs:                                                     ■    ■    '  .  .  ,    ^ 

Labor     $  1,628.05 

Material    1,692J4 

Service  of  other .  plant  151.57 

Totals     ...;.... ,,.,...,.1 $3,472.36 

Total  operation  and  repairs   17,869.99 

Total  cost  per  hr 3.12 

Pile  driver  No.  1,  is  a  floating  driver  whieh  was  usedT  for 
constructiftg  breakwater.  This  piece  of  plant  was  in  commission 
878  hr.  and  Table  IV  shows  the  expense  incurred. 

TABLE   IV.    OPERATION  AND  REPAIRS  —  PILE   DRIVER  NO.  1 

In  commission  848  hours 

Operation :                          " .' .   '                       , '  Totals 

Lator $  4,601.92 

Fuel    176.59 

Supplies     217.37 

Insurance '  97.00 

Total     ., $5,092.88 

,    Repairs : 

Labor     $  1,255.20 

Material     , .239.73    ,_ 

Service  of  other' plant  .; '7632j'; 

Total  repairs : $  1,571,24 

Total  operation  and  repairs  $  6,664.12 

Total  cost  per  hr 7.59 

TABLE    V.    OPERATION   AND    REPAIRS —  PILE    DRIVER   NO.    i 
In  commission  717  hours 

Operation:                       [  Totals 

Labor -,•••  $3,809.62 

Fuel    127.30 

Supplies 163.08 

Insurance    .- ■ '>'• "  p7.00 

Total  operation   $  4,197.00 
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Bepairs : 

Labor    *\^iir 

Material 1=3.94 

Service  of  other  plant  107.83 

Total  repairs  ?  1,413.32 

Total  operation  and  repairs  $  5,610.32 

Total  cost  per  hr 7.82 

The  cost  of  the  season's  -v.ork  of  Pile  Driver  No.  2  is  shown 
in  Table  V. 

The  derrick  was  in  commission  1,910  hr.  and  serveci  to  handle 
stone  from  barges,  and  for  handling  materials -on  all  parts  of 
the  work.    The  cost  for  the  season  is  shown  in  Table,  VI. 

TABLE  VI.    OPERATION  AND  EBPAIES  TO  DEEEICK 

In  commission  691  hours  crew  of  2  men 
In  comtnission  200  hours  crew  of  4  men 
In  commission  1,019  hours  crew  of  6  men 

Operation :  Total 

.     ;,    Labor,  watching   , $   321.67  ; 

Fuel 288.06 

'          Supplies    ,L.............' '226,31 

Insuranoe,-. ... ,: ,..., i    22.00      ,  . 

Total $   798.04 

Repairs : 

Labor : J   345.60 

Material    236.93 

Total i   582.53 

Total  operation  and  repairs : . 

Except,  operating  labor  $1,380.57 

Total  with  2  men  691  hr. 771.13 

Total  with  4  men  200  hr : 502.70 

Total  with  6  men  1,019  hr 3,391,87 

The  motor  boat  which  served  all  the  work  was  in  commission 
eight  months.  This  boat  was  purchased  by  the  Park  Commission 
in  19p7  for  $1,150.  Its  cost  for  the  season  is  shown  in  Table 
VII. 

TABLE    VII.    COST  OP   OPERATING  MOTOE   BOAT 

Operation :  Totals 

Labor  operating   $    496,10 

Labor   watching    80,42 

Supplies     546.91 

Total    $1,123,43 

Cost  per  day  4.68 
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Repairs: 

Labdr     $"  247.95 

Material     , 299.05 

Tug  and  derrick •••■•••  35.16 

Total $   582.16 

Total  operation  and  repairs    (1,705.59 

Cost  per  day 2.42 

Total  operation  and  repairs  per  day  7.10 

Uethod  of  Measuring^  the  Displacement  of  Material  in  Scow 
Barges.  A  method  of  measuring  materials  delivered  on  deck 
scows,  described  by  Mr.  Howard  J.  Cole  in  the  Journal  of  the 
American  Society  of  Engineering  Contractors,  is  given  in  En- 
gineering am,d,  Contracting,  May  1,  1912,  as  follows: 

The  exact  dimensions  of  the  scow  were  measured  by  steel  tape 
and  the  point  A'  plumbed  up  from  A,  see  Fig.  18,  similarly  B', 
B"  and  A"  were  obtained,  and  the  distance  A'  B',  A"  B",  A'  A" 


Fig.  18.    Displacement  Diagram  of  a  Scow  Barge. 

and  B'  B"  likewise  measured  by  steel  tape;  the  depths  A  A'  and 
B  B'  and  corresponding  depths  on  the  other  ,side  of  the  bqa^ 
were  carefully  measured  by  a  graduated  rule  and  noted  on  a 
sketch  of  the  boat.  When  the  latter  was  empty,  the  point  C" 
was  plumbed  up  from  C,  D'  from  D,  and  again  on  the  further 
side,  and  the  four  dimensions  corresponding  to  the  loaded  meas- 
urements recorded.  From  a  comparison  of  the  depths  (light  and 
loaded),  and  with  the  complete  measurements  taken,  the  dis- 
placement was  computed  as  hereafter  shown. 

The  length  A'  B'  and  A'  A",  and  the  other  two  corresponding 
Measurements  were  obtained  direct  on  the  scow  deck,  and  the 
depths  were  obtained  by  taking  the  difference  between  the  read- 
ings loaded  and  light  and  the  displacement  thus  figured. 

By  averaging  the  lengths  A'  B'  and  A"  B"  and  multiplying  by 
the  width  A'  A",  also  averaging  the  lengths  C"  D'  and  C  D" 
and  multiplying  by  the  width  C"  G"  and  multiplying  the  average 
of  these  two  by  an  average  of  the  differences  between  the  load 
lines  [C  0 — A'  A,  etc.)  at  the  four  corners,  the  cubic  feet  of 
displacement  -is  obtained,  which  multiplied  by  62.5  and  divided 
by  2j000,  gives  the  displacement  in  net  tons. 
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This  can  be  expressed  in  a  simpler  manner  as  follows: 

Area  of  boat  Area  of  hoat 

loaded  wate*   lines    +    light  water  lines  distance 
X    between  the    X 


two  planes 


12.5 

■  =  Displacement 


2,000  in    tone. 
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chapter  xvi 
Methods  and  cost  of  trenching 

The  words  trench  and  ditch  are  often  used  synonymously,  but 
as  treated  here  each  word  has  a  distinct  meaning.  Trenches  are 
long  and  comparatively  narrow  excavations  in  the  ground  ■■  that 
are  partly  or  entirely  refilled!  with  pipes,  coijduits,  or  masonry, 
or  are  backfilled  with  the  excavated  soil  or  other  suitable  baek- 
fllling  material.  Ditches  are  similar  excavations  that  are  left 
open  after  being  dug  for  the  purpose  of  carrying  or  holding  water. 
The  methods  and  cost  of  constructing  them  are  treated  la  Chap- 
ter, XVII.  Wide  ditches  are  often  called  canals.  Tranches  are 
dug  for  sewers,  water  pipes,  and  conduits,  and  for  foundations  of 
retaining  walls  and  similar  structures. 

The  main  items  of  work  in  trenching  are  (1)  excavation,  (2) 
sheeting  (in  trenches  in  caving  ground),  (3)  pumping  (in  wet 
soil),  (4)  pipe  laying,  and  (3)  backfill.  The  fourth  item  does 
not  strictly  belong  under  the  head  of  excavation.  However,  in 
pipe  sewer  trenches,  the  last  one  or  two  feet  (in  depth)  of 
trench  are  generally  dug  by  the  pipe  layers  and  is  thrown  back  on 
the  pipe  already  laid.  Thus,  as  cost  records  are  often  kept,  a 
small  part  of  the  cost  of  sewer  trenching  is  included  under  pipe 
laying.  In  water  pipe  work,  the  trench  is  generally  dug  com- 
pletely except  for  the  bell  holes  before  the  pipe  is  laid.  Bell 
holes  are  usually  excavated  after  the  pipe  has  been  laid  in  the 
trench.  In  conduit  construction  the  earth  is  almost  invariably 
excavated  entirely  before  the  conduits  are  laid. 

References.  In  my  "  Handbook  of  Cost  Data  "  will  be  found 
methods  and  detailed  cost  of  trenching  for  water  pipe  and  sewers, 
accompanied  by  costs  of  pipe  laying,  etc. 

Excavation  by  Hand.  Hand  excavation  is  the  most  common 
inethod  of  digging  trenches  but  there  are  many  cases  in  which 
hand  work  is  resorted  to  where  machine  excavation  would  pay 
handsomely. 

In  trenches  up  to  6  or  8  ft.  in  depth  the  material  is  first 
shoveled  from  the  trench  to  the  surface,  and  then,  as  the  spoil 
pile  grows  larger,  it  must  be  shoveled  away  from  the  edge  of  the 
trench.  A  good  foreman  will  see  that  .the  material  from  the 
first  few  feet  of  trench  is  thrown  far  away  from  the  edge.  At- 
tention to  this  matter  will  often  eliminate  a  second  handling  of 
the  excavated  material.  The  distance  from  the  trench  at  which 
the  first  portion  of  the  spoil  must  be  thrown  may  be  approx- 
imatelj^  determined  by  multiplying  the  height  of  the  trench  by  its 
width  and  dividing  by  2.  In  trenches  from  about  6  to  12  ft.  deep 
the  material  must  first  be  thrown  to  a  staging,  thence  to  the 
surface,  and  finally  shoveled  back  from  the  edge  of  the  trench, 
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thus  being  handled  three  times.  In  trenches  ,12  to  18  ft.  deep 
the  material  must  be  handled  four  tinies.  Tb(^,  earth  .  frpip 
trenches  of  greater  depths  should  not  ordinarily  be  removed  on 
stages  but  should  be  handled  in  buckets  by  a  derrick  (l)r  other 
machine. 

Uethods  of  Excavating  Trenches  by  Hand.  Engineering  and 
Contracting,  June  2,  1909,  gives  the  following: 

Men  should  never  .be  placed  indiscriminately  at  work  in  a 
trench.  After  opening  a  section  of  a  trench,  especially  where 
there  is  water,  the  most  rapid  digger  should  be  placed  first,  then 
the  next  best  and  so  on  down  the  line.  This  will  allow  the 
water  to  run  towards  the  lowest  part  of  the  trench  and  one  set 
of  pumps  will  suffice  to  handle  it,  as  well  as  let  the  timbering 
or  shoring  be  carried  on  in  its  regular  order.  If  the  men  were 
placed  indiscriminately  the  better  men  would  carry  their  sections 
to  a  greater  depth  quicker  than  the  poorer  workmen,  causing 
the  water  to  settle  in  their  pits,  thus  impeding  the  work  and  in- 
creasing the  cost. 

There  are  several  methods  of  placing  the  men  at  work  in  a 
trench.  The  most  common  one  is  to  have  the  men  spaced  only 
a  few  feet  apart  so  that  the  foreman  can  watch  them.  Some- 
times a  certain  number  of  men  are  detailed  to  do  the  picking 
while  the  rest  are  shoveling.  This  arrangement  cannot  be  recom- 
mended, especially  in  narrow  trenches,  as  the  pickers  often  in- 
terfere with  the  shovelers,  and  in  moving  from  place  to  place  tM 
pickers  tramp  over  the  loosened  earth  and  compact  it.  At  times 
a  shoveler  will  be  kept  waiting  for  a  man  to  do  his  picking.  The 
better  way  is  to  let  each  man  do  his  own  picking  and  shoveling, 
unless  the  trench  is  wide  enough  for  two  men  to  work  side  by 
side,'  then,  one  man  will  loosen  the  earth,  taking  only  a  part  of 
his  time  for  this,  and  the  rest  of  has  time  will  be  used  up  in 
shoveling.  The  men  will  also  alternate  on  picking,  thus  "  spell- 
ing" themselves,  without  loss  of  time. 

The  advantages  claimed  for  this  method  of  spacing  men  in  a 
trench  are  (1)  tha.t  the  foreman  can  watch  the,  men  easier  than 
when  they  are  scattered,  and  (2)  that  the  follow  up  work,  such 
as  laying  pipe,  can  be  kept  close  to  the  men  excavating,  thus 
keeping  the  amount  of  open  trench  at  a  minimum.  The  first 
reason  should  not  be -given  consideration.  The  second  reason 
is  often  a  valid  one.  However,  by  reducing  the  number  of  men 
in  the  excavating  gang,  and  increasing  the  amount  of  work  done 
by  each  man,  this  can  be  overcome.  This  brings  us  to  con- 
sideration of  a  second  method  of  spacing  men  in  a  trench. 

The  trench  or  ditch  is  staked  off  in  sections,  according  to.  its 
width  and  depth,  25  or  50  ft.  long.    These  sectipns  should  al- 
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ways  be  short  enough  to  be' finished  in  a  day,' as  it  has  a  goad 
effect  on  a  man  to  complete  a  task  in  a  day  and  not  have  to  start 
on  an  old  job  the  next  morning.  Then,  too,  in  case  of  rain  at 
night,  the  water  can  drain  to  the  low  part  of  the  trench;  By 
this  giethod  one  man  does  his  own  picking  and  shovelingi'and,  he 
cannot  interfere  w'ith  another' man's  work.  In  a  wide' trench  or - 
ditch  two  men  can  be  placed  in  a  section  to  work  side  by  side, 
or  with  a  jiarrow  trench  a  long  section  can  be  given  to  two  men, 
the  men  working  from  each  end  of  the  section  towards  the 
center.  Men  working  in  pairs  generally  do  better  .work  than 
when  working  alone.  The  slow  man  will  try  to  keep  up  with  the 
faster  man's  pace,  or  if  each  w6rk  at  the  same  rate,  each  spurs 
the  other  on  to  increased  efforts.   ' 

In  working  men  in  sections,  a  stake:  should  be  driven  at  the 
end  of  each  section  and  numbered,  as  1,  2,  3,  and  so  on.  i  Eacji 
section  should  be  of  the  same  length,  or  contain  thia  saine  yard- 
age. This  permits  a  record  to  be  kept  of  each  man's  work,  or  if 
the  men  are  working  in  pairs,  of  each  team's,  work.  Then,  the 
number  of  cubic  yards  excavated  by  each  man  is  known  for'each 
day's  work.  ; 

By  this  method  it  will  be  found  that  in  a  trench  Jiot  over  4 
ot  5  ft.  deep  a  man  will  average'  10  to  12  cu.  yd.  in  a  10-hr. 
day,  while;  by  the. other  method  a  man  will  seldom  excavate  over 
8  or  10  cu.  yd.  This  method  can  be  effectively  applied  where 
the  men  are  paid  a  bonus  for  yardage  in  excess  of  a  speeifled 
daily  amount.  '  ',        ' 

'  Another  method  of  placing  men  in  a,  trench  is  to  have  one 
man  excavating  the  first  12  or  15  in.,  with  another  man  fol- 
lowing taking  out  another  layer,  and  so  on  down  in  layers  until 
the  total  depth  is  obtained.  The  advantages  !  claimed  for  this 
method  are^that  the  men  do  not  interfere  with  one  another,  the 
ainount  of  trench  kept  open  is  reduced  to  a  minimum,  and  no 
matter  at  what  time  a  rain  occurs,  the  water  will  always  run 
to'  the  lowest  point  in  the  trench.-  However,  this  method,' like 
the  one  first  described,  makes  it  difficult  to  obtain  ithe  best  work 
from  the  meii,  and  the  same  advantages  can  be  obtained  by  the 
second  method  described. 

Excavating  a  trench  by  layers  in  successive  steps  is  to  be  com- 
mended, but  in  using  the  second  method  of  spaoiiig  men  in  a 
trench,  and  giving  them  sections  to  take  out,  this  method  of  dig- 
ging a  trench  by  stepping  it  down  can  be  adopted  for  each  sec- 
tion. Fig.  1  shows  a  longitudinal  section  of  a  trench  to  be  5 
ft.  deep  and  illjistrates  how  it  can  be  carried  down  in  steps. 
It  is  evident  that  a  man  working  by  this'  method  always  has  a 
small  breast,  both  to  pick  and  shovel  against,  except-  when  he 
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starts  his  section,  where  fw  a  short  time  he  must  pick  and 
shovel  from  the  top".  With  a  small  breast  he  throws  down  more 
dirt  with  his  pick  and  he  also  gets  a  much  larger 'shovelful,  as 
he  throws  the  dirt  out.  Then,  too,  stepping  from  one  step!  to 
another  and  casting  the  material  out  from  different  depths  rests 


...3>0"  . 


Pig- 


1.  „  Longitudinal   Section   of  a  Trench   Showing  Method  of 
,  ^    Excavating   It '  iA'  Successive    Steps 


the  man  without  his  gt'opping  work.  With  this  method,  if  it 
.rains  the  water  all  goes  to^  the  bottom  of  the  treiich,  where  it  can 
be  quickly  pumped  out  of,'  each  section.         . 

Tools  for  Hand  Trenching.  Except  in  veVy  shallow  trenches 
or  ditches,  or  in  confined  places  where  the  action  of  a  man  is 
interfered  >vith  by  the  sides  of  the  ti'ench  or  by  braces,  a  Ibng 
handled  shovel  shoiild  be  used.  The  workman  not  only  conserves 
his  energy  because  he  does  not  bend  down  so  pft^n  or  so  far,  but 
he  is  able  to  cast  the  earth  higher  and  farther  than  with  a  short- 
handled  shovel.  In  sand  or  other  easy  soil  a  square  edged  shovel 
should  be  used.  In  firm  soil  or,  loam  and  in  hard,  compact 
earth  or  gravel,  a  round  pointed  shovel  ia  preferred,  but  in  clay 
a  spade  is  far  more  efficient.  A  Shovel  holds  'a  greater  quantity 
of  loo^e  material  than  a  spade,  but  clay  generally  holda,,together 
well  and  as  great  a  quantity  is  held  on  a  spade  as  on  a  shovel. 
The  spade,  moreover,  is  stronger  and  easier  to  drive  into  firm 
clay.  For  loosening  the  material  a  pick  and  not  a  mattock  should 
be  used.  With  a  pick  a  much  larger  amount  pf  material  is  loos- 
ened at  each  blow.  A  pick  breaks  out  a  pyramid  while  a  mat- 
tock breaks  out  a  truncated  pyramid  and  one 'of  smaller  base  and 
altitude.  In  the  stiff  Chicago,  clays  a  draw  knife  ia  often  used 
to  shave  off  pieces.  In  a  stiff  clay  this  is  a  more  efficient  tool 
than  is  either  a  pick  or  a  mattock.  In  trenches  the  men  should 
be  prevented  from  dressing  the  sides  of  the  trench.  If  given 
a  mattock  an  Italian  will  trim  the  sides  until  they  look  as  if 
sandpapered.  '    '• 

Cost  of  Diggings  Trenches  by  Hand  09  Long  Island.     The  ma- 
terial in  general. consisted  of  .1.  .f.t..  of  topsoil,  3  ft.  of  hard  packed 
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clay  requiring  picking,  and  the  remainder  of  fine  sand  and  gravel. 
Nests  of  stones,  averaging  1  ft.  in  diameter,  were  sometimes 
encountered.  After  the  trench  had  passed  a  depth  of  4  ft.  a  man 
was  stationed  on  the  bank  to  cast  back  the, earth  shoveled  out  by 
the  bottom  men.  At  a  depth  of  6  or  7  ft.  a  staging  was  gener- 
ally required,  and  after  passing  a  depth  of  12  ft.  a  second  staging 
was  necessary.  For  slight  depths  the  trench  was  braced  with 
vertical  plank  held  apart  by  Dunn  braces,  but  when  sand  was 
reached  sheeting  was  required.  Stones  were  removed  by  a  chain- 
hoist  and  small  tripod.  The  last  foot  of  trench  was  dug  by  the 
pipe- layer  and  charged  to  pipe  Idying.  The  wages:  paid  were  as 
follows :  Foremen,  $4.00  per  10-hr.  day ;  laborers,  17  ct.  per  hr. ; 
waterboy,  $1  per  day.  A  proportion  of  the  wages  of  foremen 
and  waterbbys  is  charged  to  the  excavation.  The  fbllowing  costs 
give  the  results  of  48  time  studies.  From  these  observations  it 
was  found  that  in  10  hr.  one  man  will  excavate  9J23  cu.  yd.  in 
trenches  up  to  6  ft.  in  depth;  7.37  cu.  yd.  in  trenches  6  to  12  ft. 
deep;  and  6.38  cu.  yd.  in  trenches  12  to  18  ft.  deep. 

Victor  Windett,  in  Engineering  and  Contracting,  June,  1911, 
states  that  one  man  dug  10.5  eu.  yd.  per  day  in  trenches  (in 
Indiana)  up  to  6  ft,  deep;  7.2, cu.  yd.  per  day  in  trenches  6  to 
.  12,  fti.  deep;.  3.7  cu.  yd.  in  trenches  12  to  18  ft.  deep;  and  2.6  cu. 
yd;  in  deeper  trenches.  It  would  appear  that  pumping  was  re- 
quired in  all  of  the  deeper  trenches  recordecl  by  Mr.  Windett,  and 
this  probably  ,account8  for  the  low  output  at  depths  over  12  ft. 
On  the  Long  island  work  no  pumping  was  required.  The  costs  are 
given  in  the  following  table: 

TABLE 

Cost  of  Hand  Dug  Trenches;  Depths  up  to  6  ft.;  Material  Handled  Twice 

Cost  per  cu.  yd 20,9  ct. 

Cost  per  lin.  ^t U.4  ct. 

Average   cut 5  ft.  4  in. 

Average  -width   : .33  in. 

Average  No.  of  men  in  gang  10.3 

Cost  of  Hand  Dug  Trenches;  Depths  6  to  12  ft.;   Material  Handled  Three 

Times 

Cost  per  cu.  y,d.,,.,. 24.8  ot. 

Cost  per  lin.  ft. 21.8  ct. 

Average    cut '. 8ft.  Sin. 

Average  wld,th    ; 34.4  in. 

Average  No.  of  men  in,  gang  ;  .12.3 

Cost  of  Hand  Dug  Trenches;   Depths  12  to  18  ft.;  Material  Handled  Four 
,  Times 

,      .Cost  per  cu.  yd ..28.2  ct. 

Cost  per  lin.  ft 46.8  ct. 

Average   cut 14.11  ft. 

Average  width   ; 36  in. 

Average  No.  Of  men  in  gang 14.3 
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A  Platform  for  Ketaining  Earth,  from  Trenches.  In  a  paper 
lead  before  the  American  Railway  Master  Mechanics  Association 
(1894)  R.  C.  P.  Coggeshall  described  a  portable  platform  used 
to  hold  the  earth  from  trenches.  This  platform  consisted  of 
^^-in.  spruce  boards  secured  to  3  x  4-in.  joists.  It  was  in  two 
sections,  each  6  x  12  ft.,  hinged  so  that  one  was  horizontal  and 
the  other  vertical,  held  in  position  by  braces.  This  platform 
caused  the  laborers  to  take  greate^  care  when  throwing  up  the 
earth  so  that  it  needed  no  rehandling,  and  also  obviated  the 
necessity  of  trimming  the  back  slope  to  permit  vehicles  to  pass. 
In  backfilling,  a  certain  amount  of  earth  could  be  dumped  by  lift- 
ing the  platform.  Experiments  on  two  300-ft.  lengths  of  8-in. 
pipe  trench,  5  ft.  deep,  showed  that  the  cost  of  trenching,  in- 
cluding cartage,  with  the  platform  was  14.7  et.  per  lin.  ft.,  and 
without  it,  19.3  et.,  a^saving  of  24%. 

Cost  of  Sewer  Trenches.  J.  G.  Palmer  gives  the  following 
cost  data  in  Engineering  News,  June  25,  1908 : 

A  sewer  was  built  in  1905  from  the  new  laboratories  of  the 
U.  S.  Dept.  of  Agriculture,  Washington,  D.  C,  across  the  ma^ 
to  the  public  sewer  at  13th  St.  The  work  was  dpne,  by  day 
labor  (negroes)  who  are  said  to  have  ibeen  ieflScient  and  wpH,  man- 
aged; but  it  will  be  noted  that  they  were  .excessively  managed, 
for  the  item  of  "general  expense"  was  inordinately^  high. 

The  trench  was  3  ft.  wide,  except  at  manholes  where  the  exca- 
vation was  6  ft.  square.  The  ground  was  -10  ft.  of  clay,  under 
which  was  10  ft.  of  fine  sand  and  loam,  and  below  that  was  coarse 
gravel  containing  many  boulders  of  "  one  man  "  size.  No  water 
was  encountered.  All  excavation  was  done  with  picks  and 
shovels.  The  trench  was  braced  with  screw  jacks  between 
2  X  12-in.  planks  placed  horizontally,  and  spaced  2  ft.  c.  to  ;e, 
below  the  clay.  '  The  labor  of  bracing  is  included  in  the  item  of 
excavating. 

An  eight  hour  day  was  worked.  The  first  section  was  8.7  ft. 
deep,  3  ft.  wide,  820  ft.  long,  and  contained  4  manholes.  The 
cost  of  the  trenching  was : 

Per  eu.  yd. 

Excavation,  laborers  at  $1.50  $2'52 

Lumber  at  $18  per  M 0-0» 

Tools    ($50)    "■"S 

Total    '"-S* 

General  Expense: 

■    '      Fireman,   at  $5.00   $0-12 

'-    '.      Oerk,   at  $1.50   0»* 

Watchman,  at  $1,50    OM 

Waterboy,   at  $1.00   0-01 

Carpenter     "•"■' 

Total  general   expenses $J-23 

Grand    total    • $•'■8' 
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It  will  be  noted  that  there  was  about  1  cu.  yd.  of  excavation 
per  lin.  ft.  of  trench.  '  ;  , 

The  second  section  was  23.5  ft.  deep,  3.  ft.  wide,  838  ft,  long, 
and  contained  4  manholes.'  >  The  cost  was : 

'    '■  Per  cu.  yd. 

: .  E:3fcaTation,  laborers,  at. $1.50 $0.68 

.  Lumber. at  $18  per  M 0j03 

'/' 'Tools' ($60)    ..;..■...■...;!...■.;....-. ' O.OB 

Total    ., '. '.    $0.73 

.  I    ( ,       General  Expenses :  , 

Foreman,   at  ,$5.00    .'. . .' $0.08 

aerk  ,'.';......  i 0.03 

Watchman 0.03 

Waterboy 0.02 

Total-  general  expense $0.16 

Grand    total    '■ '■'■ $0.89 

Cost  of  Trenching,  Astoria,  Ore.  Mr.  A.  L.  Adams  states  ii^ 
Transactions  American  Society  of  Civil  Engineers  (1896)  that  in 
trenching  for  the  Astoria  (Oregon)  Waterworks,  in  1896,  the 
first  contractor  averaged  only  7  to  8  cu.'  ydj  per-  man  per  day. 
Later  on  another  contractor,  even  in  the  rainy  season,  averaged 
nearly  10  cu.  yd.  per  man  per  10-hrj  day  of  trenching  (including 
backfilling),  at  a  cost  (including  foreman)  of  1714  ct.  per  cu. 
yd.,  wages  being  $1.70  a  day.  ,  The  material  was  yellow  clay  dug 
with  mattocks  and  shovels:  1       1    i. 

Cost  of  Trenching  at  Holyoke,  TILa.&&.  Engineering -.  and  Con- 
trabting,  Sept.  16,  1908,  gives 'the  following  account  of  concrete 
block  sewers  that  were  constructed  in  Holyoke  during  1908,  the 
sewer  proper  being  built  by  eon;traet  and  the  excavation  and 
backfilling  being  done  by  day  labor  under  the  direction  of  the 
city  engineer.  •  :  ;■•      ' 

This  is' a  very  expensive  method 'of  constructing  small  sewers, 
for  two  reasons:  First,  as -in  all  kinds  of  construction  work, 
day  laborers  employed  by' a  government  are  very  rarely  as  effi- 
cient as  men  working  for  a  contractor.  Second,  in  construction 
">  of  this  character,  where  the  work  of  the  frenchmen,  and  the 
masons  must  be  co-ordinated  if  economical  results  are  to  be  ob- 
tained, it  is  necessary  to  hiave  no  division  of  authority  or  re- 
sponsibility. By  properly  performiiig  -  their  respective  duties 
frenchmen  can  save  the  masons,  much  labor,  and  the ,  inasons  can 
save  much  unnecessary  trenching.  It  cannot  b^  disputed  that  in 
almost  every  case., there  i§  a  stronger  incentive  for  the  con- 
tractor's men  to  do  efficient  work  than  for  the  city's  employees. 

The  following  wages  were  paid  for  an  8-hr.  day: 

Foreman,    per   8-hr '. $3.50 

Laborers,   per   8-hr .,-,., $2.00 
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One  trench  was  dug  14  ft.  deep  and  4.5  ft.  wide,  through  sand 
and  clay  not  a  difficult  material.  The  soil  was  thrown  on  the 
side  of  the  trench  and  used  for  backfiUing.  There  were  exca- 
vated from  this  trench  2.33  cu.  yd.  per  lin.  ft.  The  cost  per  cu. 
yd.  was  $1.21,  and  the  cost  pw  lin.  ft.  was  |2.82. 

Another  trench  was  14  ft.  deep  and  about  6  ft,  wide,  the 
material  being  the  same  as  in  the  first  trench.  There  were  3.11 
cu.  yd.  per  lin.  ft.  The  cost  of  excavating  and  backfilling  was 
$1.25  per  cu.  yd.,  and  the  cost  per  lin.  ft.  was  $3.90. 

Costs  at  Fredericton,  K.  B.  From  information  furnished  by 
A.  K.  Grimmer;  City  Engineer,  and  published  in  Engineering  and 
Contracting,  Aug.  25,  1909,  the  following  data  are  taken  le 
garding  two  pipe  sewers  built  in  1908,  at  Fredericton^  N.  B. 
The  work  was  done  by  day  labor.  Foremen  received  30  ,ct.  per 
hr.  and  laborers  18  ct.  per  hr.     A  9-hr.  day  was  worked. 

Location  Waterloo  Ed.  Phoenix  Sq. 

'    Length,    ft 495  811 

'  Size  of  pipe,   in S  8 

Cut  depth,   ft 9.7  5.8 

Cn.  yd.  of  excavation   533.5  622.5 

Cost  per  cu.  yd.  excavation   $0,515  $0,374 

The  Waterloo  Road  sewer  trench  had  to  be  close  sheeted,  the 
material  being  sand  and  the  bottom  4  ft.  wide.  The  Phoenix 
Square  trench  was  In  sand  and  loam  and  had  to  be  braced  every 
4  to  6  ft.     The  material  was  dry. 

The  cost  of  sheeting  and  bracing  is  included  in  the  above 
costs. 

Costs  of  Sewer  Work  in  Baltimore,  Md.  The  following  data 
are  from  the  Annual  Report  of  the  city  engineer  of  Baltimore, 
Md.,  for  1909.  A  more  complete  abstract  of  this  report  will  be 
found  in  Engineering  and  Contracting,  Aug.  3,  1910.  ' 

COSTS    OF    EXCAVATION    ON    VARIOUS ,  SEWERS    IN  ,  BALTIMORE 

(For  hand  excavation  except  where  noted,  cost  of  bracing  and  backfill  is 
Jncluded.) 

Per  cu.  yd. 

Eastern  Ave.  sewer,  2,928  cu.  yd $1.19 

Eastern  Ave.  sewer,  1,624  cu.  yd.  (machine  excavation)  1.46 

Race' St.  sewer,  662  cu.  yd 1.25 

Monroe  St.  sewer,  1,112  cu.  yd 1.08 

HoUins  St.  sewer,  129  cu.  yd 0.64 

Seventh  St.  sewer,  177  cu.  yd 1.36 

Singluff  Ave.  sewer,  209  cu.  yd 1.12 

University    Parkway   and   Wickford   Road   drains,    527 

cu.  yd 0.85 

Clifton  Park  Sewer,' 961.6  cu.  yd 0.93 

Cedar  Ave.  sewer,  732  cu.  yd 1.16 

Water  Main  and  Conduit  Trenches.  Trenches  for  water  mains 
and  conduits  differ  from  sewer  trenches  in  that  the  trench  usu- 
ally Has  a  constant  depth,  which  is  relatively  shallow. 
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Excavating  for  Electrical  Conduits  at  Baltimore,  Md.  Chas. 
E.  Phelps,  Jr.,  Ohief  Engineer  of  the  Baltimore  Electrical  Cbmr 
mission,  is  authority  for  the  following  data  given  in  Engvne&nng 
and  Contracting,  Mar.  11,  1908: 

The  figures  show  the  cost  of  excavation  from  thd  inception  of 
the  work  until  June,  1907,  a  period  of  nearly  9  years.  The  cost 
includes  all  the  labor,  both  men  and  teams,  timbering'  drainage, 
clearing  away  oif  obstruction,  such  as  old  pipes,  etc.,  and!  backV 
filling,  but  does  not  include  paving:  The  wages  paidi  to  men  and 
teams  for  an  eight-hour  day  were  as  follows,  foreman,  1899-1903, 
37%  ct.  per  hr.;  1903  to  1907,  43%  et.  per  hr.  Gang  boss,  3114 
ct.  per  hr.  Two-horse  teams,  1900  and  1901,  371^  ct.  per  hr. ; 
1901-1903,  40%  ct.  per  hr.;  1903  to  1905,  45%  ct.  per  hr.;;  1906 
and  1907;  50  ct.  per  hr.  One-horse  cartused  in  1899,  31%  ct.  per 
hr.     Laborers,  20%  ct:  per  hr.  throughout  the  9  yr.    .,    ' 

The  excavation  ,  work ,  was  entirely  in  earth,  which  was  sand, 
clay,  the  debris  of  filled  in  ground,  and  black  mud  on  the  streets 
near  the  harbor.  The  trunk  lines  of  the  conduits  are  mostly 
in  the  streets  or  alleys,  but  many  of  the  distributing  ducts  are 
laid  under  the  sidewalks,  and  frequently  on  both  side  of  the 
street.  In; the  low  sections,  of, the  city  many  of  the  trenches  had 
to  be  underdrained.  These  ditches  needed  shoring,  likewise  tjiose 
dug  through  sand.  But ,  little  timbering  was  done  through  the 
other  materials,  especially  for  the  distributing  ducts,  which  were 
uniformly  about  3  ft.  deep  and  2  ft,  wide,  making  about  %  eu. 
yd.  of  excavation  per  lineal  foot  of  trench,  including  the  excava- 
tion for  service  and  distribution  boxes,  which  are  from  60  to  70 
ft.  apart. 

'  The  trenches  for  the  trunk  lines  are  from  3  to  12  ft.  deep, 
being  on  an  average  of,  6  ft.  and  varying  from  2  to  4,  ft,  in  width, 
or  an  average  of  3  ft.  This  means  an  average  of  2=-3  cu.  yd.  of 
excavation  per  lineal  foot  of  trench,  exclusive  of  manholes. 
These  are  so  far  apart,  that  the  extra  excavation  will  increase  the 
average  but  little. 

The  per  cent,  of  labor  of  the  total  cost  varied  somewhat  for 
each  year,  running  as  low  as  81%  for  the  main  trunk  lines, 
where  much  shoring  had  to  be  done,  and  the  trenches  were  wet, 
up  to  97%,  where  little  shoring  was  needed,  averaging  95%. 
For  the  distributiiig  lines  the  per  cent,  of  labor  of  the  total  cost 
of  excavation  averaged  97%,  varying  from  94%  to  98%.  These 
percentages  include  labor,  both  men  and  teams. 

It  will  be  noticed  that  the,  price  paid  for  teams  and  also  for 
foremen  has  increased,  yet,  with  the  exception  of  the  year,,  1903, 
thecost  of  excavation  has  steadily  decreased.  This,  too,  in  spite 
of  the  fact  that  the  amount  excavatefi  has  decreased.     This  is  jdue 
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primarily  to  the  work  of  every  year  being  farther  and  farther 
from  the  center  of  the  city.  In  the  central  district  of  the  city, 
the  excavation  is  more  difficult,  owing  to  the  pipes,  sewers  and 
other  obstructions  being  larger  and  more  numerous. 

The  cost  of  excavation  also  includes  the  cost  of  watching,  this 
item  being  large,  on  account  of  the  short  working  day,  and  the 
fact  that  two  8-hr.  shifts  must  be  made  of  the  watching.  This 
doubles  the  cost  of  this  item. 

,  Two  horse  dump  wagons  are  used  for  hauling,  the  excess  ma- 
terial away  from  the  trench.  These  wagons  are  of  a  nominal 
capacity  of  2  cu.  yd.,  but  the  average  load  is  about  I14  cu.  yd. 
place  measurement.  Each  team  averages  five  trips  to  the  dump 
per  day,  thus  hauling  7^  cu.  yd.  All  work  was  done  by  day 
labor.     The  cost  per  cii.  yd.  of  trench 'was  as  follows!"         '"" 

.  (31,097  cu,  yd.  in  1899  $2.61 

,11,862  cu.  yd.  in  1900  1.87 

I        i  7,155  cu.  yd.  in  1901  -1.88 

I    1  6,559  cu.  yd.  in  1902  1.82 

11,590  cu.  yd.  in  1903  1.94 

1,720,  cu.  yd.  in  1904  1.97 

15.476  cu.  yd.  in  1905  1.65 

9,984  cu.  yd.  in  1906  1.53 

5,887  cu.  yd.  in  1907 1.49 

Trenching  for  Tile  Drains.  The  following  relates  to  work  on 
an  extensive  scale  at  the  e.xperimental  farm  of  the  University  Of 
Minnesota.  An  abstract  of  a  hulletin  on  this  suhject  is  given 
in  Engineering,  and  Contracting,  Get.  21,  1908.  The  tools  used 
for  this  work  are  a:  skeleton  or  muck  spade  for  removing  the 
earth.  This  spade  has  a  blade  18  in.  in  length,  made  of  three 
prongs  with  a  solid  cutting"  edge  at  the  lower  end.  A  cut  the 
full  length  of  the  blade  is  taken,  the  slice  of  earth  cut:  being 
comparatively  thin.  The  top  of  the  spade  is  pushed  slightly 
forward  to  break  the  cut  loose.  It  is  then  raised  and  the  ma- 
terial thrown  out.  The  loose  dirt  vphich  falls  in  the  trench, 
known  as  crumbs,  is  throvra  out  by  a  long-handled,  round-pointed 
shovel.  The  la,8t  cut  of  the  spade  reaches  to  within  2  or  3  in. 
of  the  grade  line  and  is  just  wide  enough  at  the  bottom  to  admit 
the  tile.  The  bottom  is  cleaned  out  and  dressed  to  fit  the  lower 
half  of  the  tile  with  the  tile  scoop.  ,  ,,,, 

The  tile  scoop  is  a  long-handled  tool,  semi-circular  i;ii,  shape, 
16  in.  in  length  and  m.'ade  in  sizes  to  fit  the  various  tile,, up  to 
8  in.  When  over  that  size  the  finishing  is  usually  done  with  the 
long-handled  shovel.  The  tile  scoop  is  operated  by  standing  in 
the  trench  and  drawing  toward  the  workman.  The  bottom  of  the 
trench  behind  this  tool  is  smooth  and  conforms  to  the  lower  half 
of  the  tile.     In  trenching  by  hand,  unless  the  trench  is  deep,  or 
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the  digging  hard,  two  men '  work  together.  One  takes  out  the 
top  spading,  the  other  the  bottom  and  finishes  the  trench.  On 
deep  trenches  there  is  usually  a  man  at  work  on  each  spading  in 
depth,  the  trench  being  carried  along  in  ^steps.  Many  tile 
dittherg  throw  the  excavated  earfh  on  both  sides  of  the  trench, 
while  others  prefer  to  throw  it' all  on  one  side;  however,  this  is 
a  matter  of  little  importance  in  most  localities. 

The  contract  prices  on   a  certain   job   involving  the  laying  of 
11,430    ft.    of    tile   drain    were    arrived    at    in    accordance    with 


Fig.   2.     Forms   of   Tile   Trench   on  Experimental    Farm   of   the 
University    of   Minnesota. 


the  common  rule  of  tile  construction,  i.e.,  a  fixed  price  for  all 
^trenches  averaging  3  ft.  or  ui;ider  in  depth  plus  an  additional 
sum  for  each  inch  additional  average.  The  average  is  found  by 
dividing  the  sum  of  the  cuts  at  all  the  stakes  by  the  total  num- 
ber of  stakes.  In  this  case  the  price  was  40  ct.  per  rod  for  3-ft. 
work,  then  1  ct.  for  each  additional  inch  up  to  4  ft.  work,  then 
2  ct.  per  inch  for  each  additional  inch.  This  gives  prices  for 
various  depths  as  fpUows  (cost  of  trenching,  laying  tile,  and 
blinding,  included)  : 

3-ft.  trenching,  40  ct.  per  rod  or  $2.42  per  100  ft. 
3,5-ft.  trenching,  46  ct.  per  rod  or  $2.79  per  100  ft. 
4-ft,  trenching,  52  ct.  per  rod  or  $3.15  per  100  ft. 
4.5-ft.  trenching  64  ct.  per  rod  or  $3.88  per  100  ft. 
5-ft,  trenching,  76  ct.  per  rod  or  $4.B0  per  100  ft. 
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The  average  work  done  by  one  man  per  day  was  100  ft.  of  3-ft. 
trench;  95  ft.  of  3i^-ft.  trench,  and  80  ft.  of  5-ft.  trench.  Un- 
skilled labor  cost  the  contractor  $2  per  day. 

The  cost  of  backfilling  tile  trenches  by  hand  was  as  follows 
per  100  ft. 

Trench  4.5  ft.'  deep,  3.75  hr.  at  20  ct.  per  hr $0.75 

Trench  3.0  ft.  deep,  2.8  hr.  at  20  ct,  per  hr .56  - 

Trench  2.0  ft.  deep,  2.0  hr.  at  20  ct.  per  hr.... ■. 40 

The  cost  of  backfilling  by  dragscraper  was: 

Team  with  driver  55  min.  4t  45  ct.  per  hr $0.42 

Scraper  holder,  55  min.  at  20  ct.  per  hr 18 

Total  per  100  ft.,  trench  3.5  ft.  deep  $0.60 

The  cost  of  filling  100  ft.  of  trench  with  grader  was: 

Two  teams   with  drivers   on  plow,   6  min.   each  at  45 

ct.  an  hr $0,090 

1  man  to  hold  plow,  6  min.  at  20  ct.  an  hr 0,020 

Total  per  100  ft $0,110 

The  cost  of  backfilling  100  ft.  of  trench  with  a  plow  was  as 
follows : 

2  teams   with   drivers   on   grader,    10  min.  each  at  45 

ct.  an  hr $0,150 

1  man  operating  grader,  10  min.  at  20  ct.  an  hr _  0:033 

Wear  and  tear  of  machinery  , 0.027 

Total  per.  100  ft ; $0,320 

The  cost  of  plow  and  grader  work  is  the  average  of  all  the 
ditches  filled  in  this  manner.  They  varied  in  depth  from  2..5  to 
5  ft.,  with  an  average  of  3. .5  ft. 

Cost  of  Tile  Drainage  in  California.  The  follovying  from  En- 
gimeering  and  Contracting,  Oct.  13,  1909,  is  an  abstract  of  Bul- 
letin 217  of  the  United  States  Department  of  Agriculture.  The 
cost  of  2,300  ft.  of  6-in.  tile  drains  on  the  Dore  tract  in  Cali- 
fornia was  as  follows,  the  excavation  being  in  dry  ground  to  an 
average  depth  of  4.5  ft. 

Digging  trenches  and  laying  tile  — 

92  days,  at  $2.50  per  day  „ $230.00 

9  days,  at  $3.00  per  day   27.00 

$257.00 
Filling  trenches  — 

Two  men  and  team,  6%  days  at  $6.00  per  day 39,00 

Man  with  shovel  in  vines,  1  day  at  $2.50  per  day ^2.50 

$  41.iiO 
Total *298.50 
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There  were  2,300  ft.  of  6-in.  tile  laid.  All  of  this  was  in'vine- 
yard  where  the  dirt  had  to  be  thrown  away  from  the  vines.  In 
filling  the  ditches  a  filling  scraper  was  used,  and  the  vines  in- 
terfered with  this  work  considerably.  However,  the  cost  of 
filling  this  2,300  ft.,  $41.50,  gives  1.8  ct.  per  foot.  ThS  cost  of. 
digging  the  trenches  and  laying  the  tile  was  11.2  ,ct,_  per  foot. 
The  tile  cost  13.3  ct.  per  foot.  This  gives  a  total  of  26.3  ct.  per 
foot  for  tile  and  all  work  connected  with  laying  it  and  filling 
the  trenches.  To  this  must  be. added  2  tt.  for  cable  inserted  in 
all  tile,  and  3.7  ct.  for  wooden  sand  boxes,  making  a  total  of  32 
ct.  per  ft.  Sand  boxes  were  spaced  300  ft.  apart,  contained  215 
ft.  B.  M.,  and  cost  $11  each. 

Use  of  Derricks  and  Locomotive  Cranes.  These  are  used  to  a 
considerable  extent  on  trench  work.  For  small  but  deep  exca- 
vations in  crowded  city  streets  a  hand  operated  derricTc'  is  well 
fitted  to  the  requirements.  Such  derricks  must  be  of  light  weight 
and  easily  moved  and  set  up.  Where  the  trench  is  continuous 
and  there  'is  room  for  its  operation,  a  small  steam  operated  der- 
rick is;  frequently  mounted  on  rollers  arid  carried  along  with  the 
excavation.  Jts  track  may  be  directly  over  the  trench,  on  the 
trench  timbering  or  it  may  be  carried  along  one  Side  o^,  the 
trench,  provision  being  made  in  the  timbering  for  the  additional 
load. 

A  locomotive  crane  is  of  still  greater  value,  owing  to  its  speed 
and  increased  range  of  work.  With  a  crane  it  is  possible  to  carry 
excavated  material  for  back  fill  back  along  the  trench.  Steam 
ope,rated  derricks  and  cranes  are  usually  used  on  trench  wp^k 
to  handle  skips  or  bottom  dump  buckets  that  are  filled  by 
hand. 

,In  this  coiinection  it  should  be  remembered  that  the  orauge- 
peel  bucket  will  excavate  soft  material  very  rapidly  and  that  it 
will  work  well  even  after  the  shoring  is  placed  in  the  trench. 
The  material  under  the  braces  can  be  shoveled  to  where  the 
bucket  can  pick  it  up. 

TTse  of  Dragline  Excavators.  These  are  not  adapted  to  work 
in  confined  areas.  A  dragline  bucket  cannot  be  used  to  cut 
close  to  line  nor  can  it  be  operated  where  immediate  timbering 
is  necessary.  It  is  well  adapted  for  the  first  rough  work  on 
fairly  large  trenches  in  the  open,,  especially  where  these  do  not 
require  shoring.  The  bulk  of  excavation  on  certain  trenches  for' 
the  cut  and  cover  section  of  T;he  Catskill  Aqueduct  was  taken  out 
by  drag-lijies.  These  were  afterwards  trimmed  to  line  and  grade 
\by  hand,  the  additional  material  being  handled  in  bottom  dump 
buckets  by  a  locomotive  crane. 

Another  machine  which  has  been  used  with  success  in  "trenches' 
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is  a  traveling  swinging  derribk,  operating  an  orange-peeli  bucket. 
This  machine  moves  on  solid  ground, ahead  of  the  trench. 

Victor  Windett,  in  Engineering  and  OontracUng,  June  S,  1911, 
gives  the  output  with  this  machine  on  several 'jobs  in  Indiana. 

With  a  %-yd.  bucket,  operated  by  a  power  swinging  56  ft; 
boom,  the  best  day's  work  done  was  920  cu.  yd.  excavated  in  10 
hr.  This  was  in  a  trench  sheeted  by  pile  driving  ahead  of  the 
digging.  The  braces  were  placed  8  ft.  centers,'  as  the  depth  of 
the  digging  required,  in  a  trench  14  ft.  wide  by  12  ft.  deep. 
The  sppil  in  part  was  loaded  on  3-yd.  cars  and  in  part  dumped 
on  the  ground  50  ft.  away.     The  soil  was  alluvial  river  deposit. 

In  excavating  for  the  Plaquemine,  La.,  lock  approach  there 
was  used  a  3-cu.  yd.  orange-peel  bucket  hung  from  a  boom  85 
ft.  long  and  loading  on  flat  cars  on  a  trestle  20  ft.  above  the 
working  level.  This  boom  was  swung  by  gravity.  The  earth  was 
wet  Mississippi  river  alluvium.  This  bucket  was  changed  in 
favor  of  a  2-cu.  yd.  bucket  because  the  larger  bucket  overloaded 
the  machine.  The  3-cu.  yd.  bucket  would,  at  times,  take  loads 
of  approximately  4^  cu.  yd.  heaped  up  over  the  bull  wheel,  which 
strained  the  timber  framework. ,  , 

The  digger  discharged  its  load  onto  flat  cars  on  a  trestle  ad- 
jacent to  the  work.  The  average  haul  for  a  loaded  train  was 
approximately  400  ft.  Two  light  engines  would  handle  3  cars. 
Unloading  was  done  by  a  Lidgerwood  plow  working  between 
stakes  on  the  sides  of  the  car.  The  3-cu.  yd.  bucket  would  place 
a  load  on  the  cars  in  55  sec.  With  4elays  due  to  all  causes 
the  average  output, of  thei  machine  was  1,320,  cu.  yd.  in  a  day 
of  10  hr.  The  labor  cost  was  $0.19  per  cu.  yd.  of  earth  dug,  in- 
cluding operating,  maintenance,  transportation  of  spoil  £(.nd,, un- 
loading.    The  maintenance  of  the  trestle  was  a  considerable  Hem. 

For  trench  work  a  %-cu.  yd.  orange-peel  bucket  is  about  a,p 
large  as,  can  be  economically  used,  because  a  larger  bucket  re- 
quires too  much' room,  and  would  also  requiiie  the  brstpingto:  be 
spaced  farther  apart  than  8  ft.  centers ;  this  would  necessitate 
timbers  too;  heavy  to  be  handled,  easily  by  the  trenching  gang. 

Cost  of  Trenching  with  a  Derrick  at  Big  Kapids,  Mich.  En- 
gineering and  Contracting,  Sept.  8,  1909,  gives  the  following:. 

A  trench  4  ft.  wide,  from  14  ft.  to  17.25,  ft,  deep,  and  1,000  ft. 
long,  was  excavated  for  a  .15-in.  pipe  sewer.  Tbe  material  was 
gravel  and  boulders.  As  much  as  3  cords  of  stone  were  removed 
from  40O  ft.  of  trench,  many  boulders,  requiring  a  3,900-lb,  chain- 
fall  to  handle  them.  The  gravel  was  treacherous  and  required 
two  to  three  sections  of  sheeting  wfth  three  or  four  rang£rs. 

The  flrsti4  to  0  ft.  of  trench  were  excavated  by  means  of  a  drag 
scraper;  fitted  with  inside  bars  and  bail  to  ena,ble  it.,tQ,cut  ver- 
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tical  sides.  A  team  and  driver  did  all  this  digging  and  back- 
iilling.  The  remainder  of  the  trench  was  excavated  by  a  No.  1 
Parker  derrick.  This  derrick  reduced  the  cost  from  78  to  59  ct. 
per  lin.  ft.,  and  the  crew  from  27  men  required  for  hand  work 
to  16  men  with  the  derrick.  The  buckets  held  %  cu.  yd.,  and  61 
to  68  buckets  per  hr,  were  handled  by  4  loaders,  1  dump  man, 
1  derrick  man,  and  a  horse  and  driver.  It  required  no  more  than 
7  min.  to  move  the  derrick  ahead  16  to  32  ft. 
The  daily  cost  of  the  work  was  as  follows: 

1  foreman     $  2.00 

1  scraper  team  and  driver 3.75 

1  man  holdings  scraper   '. 1.50 

1  man   dumping   scraper    1.50 

2  men  pulling  sheeting  and  carrying  it  ahead  at  $1.50.  3.00 

1  man  setting  top  section  of)  sheeting  1.50 

1  man    tending   derrick    1.50 

1  horse  and  driver  on  haul  line  2.50 

4  men  filling  2  buckets  at  $1.50  6.00 

1  man   laying  pipe    2.00 

1  pipelayer's    helper    1.50 

Total  per  day   $26.75 

This  gang  completed  from  46  to  54  ft.  of  sewer  per  day;  this 
gives  a  labor  cost  of  58.2  ct.  to  49.5  ct.  per  lin.  ft.  of  sewer. 

Deep  Trenching  at  Brooklyn,  KT.  Y.  A  description  of  the 
methods  pursued  in  constructing  the  Green  Avenue  relief  sewer, 
Brooklyn,  N.  Y.,  is  contained  in  Engineering  Record,  Sept.  1, 
1900. 

.  This  sewer  was  constructed  of  brick  and  was  78  in.  in  diameter. 
The  invert  was  situated  35  to  40  ft.  below  street  level.  When  the 
depth  exceeded  35  ft.  it  was  customary  to  tunnel.  The  soil  was 
of  loam  with  a  preponderance  of  fine  soil.  A  track  of  15-ft^gage 
spanned  the  sewer  and  on  this  traveled  a  car  carrying  a  derrick. 
This  derrick  was  equipped  with  a  25-ft.  boom,  and  the'  buckets 
of  earth  were  conveyed  by  it  to  a  dump  car  alongside  the  trench. 

The  trench  .was  dug  in  sections  25  ft.  long,  11  ft.  wide  and  4 
ft.  deep.  Then  the  sheeting  was  started.  A  4xl0in.  ranger 
was  placed  at  the  bottom,  and  the  sheet  piling  of  2-in.  planks,  16 
ft.  long,  was  startedi  Two  men  with  vjooden  mauls  diove  down 
this  sheeting  as  fast  as  6  men  with  shovels  lowered  the  trench. 
The  ti-etich  was  excavated  in  4  ft.  benches,  two  men  setting  the 
rangers  and  sheeting  as  the  work  proceeded.  The  braces  were  of 
4  X  10-in.  timber,  and  after  being  cut  exactly  to  length  Were  set 
in  place  with  one  end  a  foot  or  two  to  one  side  of  the  proper 
position.  The  braces  were  later  driven  horizontally  into  place 
and  wedged  there.  A  cleat  was  nailed  across  the  brace  at  each 
end  before  it  was  put  in  position  in  order  to  prevent  the  brace 
from  falling  down.     (See  Fig.  3.)     Cleats  were  also  nailed  to  the 
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sheet  piling  after  it  was  down  to  grade  In  order  to  hold  up 
the  rangers.  The  rangers  were  all  25  ft.  long,  and  were  set  with 
their  joints  opposite.  Braces  were  8  ft.  apart  except  at  the  ends 
of  the  rangers:  here  the  braces  were  placed  2  ft,  each  side  of  a 
joint. 

Excavation  and  timbering  were  carried  on  in  three  places  by 
three  gangs  of  12  men  each,  in-  addition  to  the  man  on  each 
derrick,  and  6  men  on  the  dump  and  at  backfilling.  The  whole 
force  completed  25  to  30  lin.  ft.  of  trench  in  8'  hr.  The  trench 
being  10.5  ft.  wide  at  bottom,  13  ft.  wide  at  top,  and  35  to. 40 
ft.  deepj'^the  gangs  of  36  shovelers  and  timbermen  excavated  480 
cu.  yd.  per  day  or  about  15  cu.  yd.  per  man  per  day.  However, 
since  one-third  of  the  men  were  timbering,  the  shovelers  actually 
loaded  20  cu.  yd.  per  man  per  day.  Including  the  backfillers  and 
engineers,  the  total  force  was  45  men,  and,  putting  the  coal  con- 
sumption as  equal  to  3  men,  the  equivalent  of  48  men  dug  at  the 
rate  of  10  en.  yd.  per  man  per  day.  This  was  excellent  work. 
The  trench  was  perfectly  dry,  the  sand  being  moist  enough  to 
stand  well  on  a  face  5  ft.  high. 

The  sewer  gang  proper  comprised  2  men  laying  flooring  plank 
and  adjusting  centers,  4  to  6  brick  layers,  2  hod-carriers,  2  mor- 
tar mixers,  2  men  lowering  mortar  and  2  men  lowering  brick. 
These  14  men  laid  26  ft.  of  sewer  (20,800  brick)  in  8  hr. 

Use  of  a  Derrick  and  Cars.  Engineering  and  Contracting,  J?eb. 
28,  1912,  gives  the  following: 

A  trench^  carrying  a  discharge  pipe  for  an  addition  to  the 
power  plant  of  the  Indiana  Michigan  Power  Electric  Co.,  South 
Bend,  Ind.,  was  excavated  30  ft.  deep  and  8  ft.  wide  at  the^  top 
with  a  derrick.  The  materials  encountered  consisted  of  sand  and 
gravel  to  a  depth  of  about  10  ft.,  and  clay  to  about  5  ft.  in 
depth.  With  blue  clay,  containing  occasional  pockets"  of  quick- 
sand beneath,  sheeting  plank,  2  in.  thick  and  12  ft.  long  were 
used.  The  earth  and  clay  were  exicavated  by  hand,  and  thrown 
into  car  bodies  of  %-cu.  yd.  capacity,  V-shaped  and  fitted  with 
legs,  so  that  they  would  stand  upright  on  the  ground  or  could 
be'  Used  on  the  cars.  These  car  bodies  were  hoisted  byi  a  der- 
rick and  ,placed  on  car  trucks  and  run  back  for  backfilling  the 
trench. 

The  derrick  was  equipped  with  a  stiff  leg  arrangement  which 
would  set  on  '  a  portable  frame  straddling  the  trench^  and  was 
supported  on  a  track,  upon  which  it  could  be  run  back  and  forth 
over  the  work.  The  portable  frame  was  built  high  enough  to 
allow  the  cars  to  pass  under  it,  the  track  for  these  ears  was 
laid  on  stringers  supported  by  the  trench  frame.  Only  one  car 
truck  was  used,  but  3  or  4  car  bodies  were  kept  in  operation. 
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At  the  bottom  of  the  trench  a  42-in.  concrete  pipe  was  laid,  and 
the  earth  was  tamped  in  around  it,  nearly  up  to  the  center  point. 
This  was  further  backfilled  to  a  depth  of  about  5  ft.,  at  which 
depth  the  36-in.  pipe  was  laid  and  backfilled  in  the  same  man- 
ner. About  25  ft.  of  pipe  trench  were  excavated  and  filled  in  a 
10-hr.  day,  with  a  gang  of  30  men. 

Derrick  and  •  Orange-Peel  on  LouisTille  Sewer  Work.  Engi- 
neering and  Contracfing,  Jan.  29,  1910,  gives  the  following: 

Fig.  4  shows  a  derrick  owned  by  the  American  Engineering  & 
Construction  Co.  of  Chicago,  used  on  one  of  their  sewer  contracts 
at  Louisville,  Ky.  The  work  was  the  construction  of  a  large 
concrete  sewer  14  ft.  in  diameter  and  4,230  ft.  in  length.  The 
depth  of  sewer  averaged  39.3  ft.,  and  the  average  number  of  cubic 
yards  of  excavation. per  lineal  foot  was  26.5.  In  the  beginning  of 
the  work  a  steam  shovel  was  used  for  the  first  cut,  but  was 
abandoned  as  it  was  soon  seen  that  the  derrick  could  lid  the 
work  required.  The  derrick  took  out  the  excavation  to  within 
14  ft.  of  the  bottom,  and  the  balance  was  taken  out  with  a  Pot- 
ter machine  and  carried  back  for  backfill.  The  derrick  was 
equipped  with  an  orange-peel  bucket.  The  spoil  material  was 
deposited  in  wagons  and  was  hauled  away  under  a  sub-contract 
at  11  et.  per  cu.  yd.  The  rest  of  the  material  excavated  by  the 
derrick  was  dumped  into  Koppel  cars,  located  alongside  the 
trench  and  hauled  directly  to  the  backfill. 

The  derrick  is  a  stiff  leg,,  mounted  on  a  portable  turntable. 
The  power  plant  consisting  of  a  30-hp.  boiler  and  a  7  x  10-in. 
engine  .operating  three  drums,  is  mounted  on  the  turntable  in 
such  a  position  as  to  balance  the  weight  of  the  derrick  and  boom. 
The  drums  are  equipped  with  two  sets  of  gears  permitting  ar- 
rangement for  a  dragline  bucket,  if  desired.  The  entire  outfit 
cost  about  $6,500.  The  output  of  the  derrick  was  about  63,000 
cu.  yd.  and  averaged  1,500  cu.  yd.  per  week.  The  maximum  out- 
put in  one  day  was  about  850  cu.  yd.  or  1,200  swings  with  the, 
%-cu.    yd.    orange-peel    bucket   working    in    sand. 

The  derrick  was  formerly  known  as  a  Kearns  derrick  and  tlie 
patents  on  the  swinging  arrangement  are  held  by  the  Lidger- 
wood  Manufacturing  Co. 

Trenching:  with  a  Grab  Bucket  In  Wet  Ground.  Engineering 
and  Contracting,  Sept.  28,  1910,  gives  the  following: 

In  trenching  through  sand  for  a  sewer  at  Gary,  Ind.,  a 
V-shaped  trench  with  sides  at  the  natural  slope  of  the  material 
is  found  more  economic  than  a  narrow  sheeted  trench.  The 
depth  of  cut  ranges  from  3  ft.  to  221^  ft.  and  averages  141^  ft., 
and  from  2  to  3  ft.  of  the  bottom  is  below  ground  water  level,  so 
that  the  conditions  are  such  as  would  ordinarily  be  considered  as 
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calling  for  a  siieeted  trench.  At^Gary  therq  were  no  restrictions 
on  the  allowable  width  of  trench,  as  the  work  was  through  open 
country,  and  the  decision  as  to  methods  rested  entirely  on  ques- 
tions of  comparative  cost.  The  contractor  decided  upon  a  method 
of  bleeding  the  ground  of  the  water  by  means  of  well  points  and 
opening  a  V-shaped  cut  of  such  width  as  might  be  necessary 
to  get  the  depths  required,  using  a  grab  bucket  excavator.  The 
result  has  been  that  the  amount  of  excavation  has  been  twice 
the  volume  required  for  a  sheeted  trench,  but  this  100%  extra 
of  digging  has  cost  less  than  timber  and  sheeting  labor  would 
have  cost. 

Briefly,  the  method  of  work  is  to  make  a  cut  with  a  grab 
bucket  operated  from  a  derrick  running  ahead  of  the  cut,  letting 
the  sides  of  the  cut  curve  to  slope.  The'  grab  bucket  makes  the 
cut  roughly  to  grade.  Th^  next  operation  is  to  sink  a  row  of 
well  points  on  each  side  of  the  trench  bottom  and  connect  them 
with  a  pump;  the  ground  water  is  drawn  out  low  enough  to  per- 
mit iiie  trench  bottom  to  be  trimmed  and  the  sewer  concrete  to 
be  placed. 

The  derrick  is  a  rig  built  by  the  contractor  of  old  timbers, 
and  of  such  machinery  as  was  at  hand.  The  engine  is  7  x  10-in., 
with  vertical  boiler.  A  swinging  engine  is  also  used.  The  ma- 
chine rests  upon  a  turntable,  which  in  turn  travels  forward  on 
rollers.  When  desired  to  move,  a  line  is  led  out  to  a  tree  or 
stump  and  fastened;  the  other  end  is  turned  over  a  nigger-head 
on  the  engine  and  the  machine  pulled  ahead  as  desired.  The 
swinging  of  the  boom  is  rapid  and  is  accomplished  by  a  cable 
which  runs  around  the  circular  rail  upon  which  the  machine 
turns.  The  cable  passes  around  this  rail  in  the  same  manner  as 
on  the  bullwheel  of  a  derrick.  An  engineer  and  fireman  operate 
the  derrick.  Two  laborers  prepare  the  ways  for  the  rollers,  and 
do  the  other  necessary  work  around  it,  such  as  carrying  coal  and 
supplies. 

The  Andersen-Evans  (Chicago)  graly bucket  is  of  a  new  type, 
differing  from  the  ordinary  clam  shell  buckets  in  that  the  dif- 
ferential drum  is  not  fastened  to  an  extension  of  the  scoop  but 
is  carried  by  a  separate  frame.  The  scoops  swing  from  hiiiges 
on  this  frame-  and  when  opened  up  an  unusually  wide  opening 
is  secured.  The  separation  of  the  pivots  gives  an  excellent  cut- 
ting motion  and  it  is  .especially  noticeable  that  a  full  bucket  of 
material  is  always,  secured  yvhen  digging  under  water.  This  is 
unusual  in  such  compacted  material  as  sand  under  water. 

After  the  trench  has  been  excavated  to  grade  by  the  grab 
and  the  material  deposited  on  both  sides,  the  pump  men  begin 
the  installation  of  the  well  points.     Two '  3-in.  pipes  about   100 
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ft.  loiig  are  laid  along  the  trench,  one  on  each  side  of  the  im- 
mediate area  to  be  unwatered.  A  valve  with  two  nipples  is 
located  at  4  ft.  intervals  all  along  these  Inains  and  rubber  hose 
connections  are  made  between  the  mains  and  the  points.  The 
points  consist  of  ll^-in.  galvanized  pipes,  which  are  jetted  into 
the  sand  at  2-ft.  intervals.  They  have  a  inctal  point  at  the 
lower  end  and  above  the  lower  end  for  2  ft.  they  are  perforated 
with  i/i-in.  holes  and  screened  with  fine  wire  inesh.  It  reqiiires 
the  time  of  4  to  6  men  to  set  these  points  ahead  of  the  concrete 
work  and  to  pull  them  after  the  invert  has  been  put  in.  A  small 
s.team  pump  is  attached  to  the  3-in.  mains  and  the  elevation- of 
the  ground  wate^'  is  lowered  below  the  bottom  of  the  sewer  and 
the  ground  is  trimmed  to  the  circular   shape  fitting  the  invert. 

The'  progress  on  the  work  for  10  days  is  an  indication  of  the 
success  with  which  it  is  being  carried  on.  The  average  number 
of  lineal  feet  of  completed  sewer  (not  back  filled)  was  93  ft.  per 
day.  The  smallest  day's  work  was  69- lin.  ft.  and  the  greatest 
was  124  lih.  ft. 

Trenching  with  a  Dragline  Excavator.  The  use  of  a  drag- 
line'bucket  for  excavating  a  trench  for  a  water  main  at  Bal- 
timore, Md.,  is  described  by  J.  C  Lathrop,  in  Engineering  News, 
Nov.  19,  1914.  The  work  on  which  this  machine  was  used  was 
a  trench  about  1,700  ft.  long,  the  average  depth  being  15  ft., 
varying  from  12  ft.  at  one  end  to  20  ft.  at  the  other,  and  the 
width  18  ft.  A  dragline  bucket  with  a  capacity  of  22  cu.  ft. 
pulled  up  an  incline  by  a  hoisting  engine,  dumped  into  a  bin 
and  delivered  to  carts  or  wagOns;  The  total  amount  of  earth 
removed  by  this  method  was  about  13,000  cu.  yd.,  one-fourth  of 
which  was  hauled  away  to  allow  for  the  space  occupied  by  the 
pipe  in  the  trench.  The  bala.nce  was  piled  up  at  one  side  of  the 
trench  to  form  an  embankment  upon  which  was  placed  track  for 
a  locomotive  and  for  the  locOmdtive  crane  used  to  handle  the 
concrete  pipe  sections. 

A  drag-seraper  bucket  was  used  in  place  of  a  steam  shovel  be- 
cause of  the  character  of  the  material,  it  being  necessary  to  sheet 
the  bank  as  the  excavation  proceeded.  Rangers  or  waling  strips, 
6  by  8  in.  by  16  ft.,  were  held  in  place  and  cross-braced  by 
other  6  by  8-in.  timbers.  The  sheeting  were  driven  by  two  small 
stieam  hammers  carried  by  bloelcs  and  falls,  himg  from  steel 
cables  directly  over  ea;ch  line  of  sheeting.  Steam  for  the  ham- 
mers was  supplied  by  the  hoist  engine  boiler  and  a  traction 
engine. 

As  high  an  outpiit  as  2.50  bncketfuls  were  removed  in  a  working 
day  at  the  averairc  rate  of  a  round  trip  in  2  min. 

Trenching  with  Steam  Shovels.     Steam  shovels  have  been  used 
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for  some,  years  for  trench  excavation,  and  each  year  shows  more 
eflBcient  work  done  by  them.  When  shovels  were  built  of  the 
old  crane  type  they  did  not  have  as  great  an  angle  of  swing  as 
the  present  trench  digging  shovels  have,  with  the  result  that  tbe 
dirt  waspil^d  up  so  close  to  the  trench  as  to  interfere  not  only 
with  the  work  of  excavation  but  also  with  the  other  work  that 
had  to  be  done  in  the  trench.  The  modern, boom  shovel  was  an 
improvement  over  the  crane  type,  but  the  great  improvement 
came  in  steam  shovels  for  trench  work  when  the  full  circle  re- 
volving shovel  was  introduced. 

When  the  trench  is,  of  such  dimensions  that  a  small  shovel 
can  be  used,  revolving  or  full-swing  shovels  will  prove  much 
moi'e  advantageous  than  standard  machines.  Some  of  the  prin- 
cipal advantages  of  the  revolving  type  of  shovel  over  the  ordi- 
nary type  are  as  follows:  First,  the  revolving  shovel  can  start 
a  cut,  moving  gradually  along  until  the  required ,  depth  is 
reached,  then  turn  around  and  excavate  the  "  heel  "  that  is  left, 
whereas  the  cut  for  the  standard  shovel  must  be  started  by  hand; 
Second,  in  the  standard  type  of  machine  the  steering  wheels  are 
in  the  rear,  and  some  skill  is  required  to  steer  the  machine  and 
keep  it  exactly  over  the  trench,  whereas  with  the  revolving 
shovel  the  steering  wheels  can  be  placed  at  the  front  end.  Third, 
where  conditions  are  favorable,  the  excavation  and  backfill  can 
be  made  at  the  same  time.  Fourth,  with  this  type  of  shovel  the 
excavated  material  can  be  kept  well  away  from  the  trench  aud  a 
large  amount  of  material  piled  up  on  the  bank.  As  the  pile  be- 
comes high,  the  dipper  of  the  shovel  is  used  as  a,  ram,  pushing 
off  the  top  of  the  pile  of  earth,  and  away  from  the  trejich, 

Naturally,  when  the  soil  is  sandy  or  in  a  material  that,  has  a 
tendency  to  cave,  close  sheeting  and  heavy  bracing  are  required 
to  enable  the  banks  to  carry  the  weight  dircctlj'  above  them. 
When  it  is  necessary  to  sheet  directly  beneath  a  shovel,  digging 
must  cease.  This  makes,  the  percentage  of  ijile  time  high,  ^.nd 
the  cost  excessiye  in  any  but  firm,  hard  ground.  In  ordinary 
soils  a  trench  excavator  will  generally  prove  a  more  economical 
machine.  On  the  other  hand,  in  hard  clay:  and  boulders  the 
steam  shovel  is  a  most  effective  tool. 

As  a  stpam  shovel  works  into,  instead  of  away  from,  the  ma- 
terial ,it  is  excavating,  it  must  be  carried  by  the  banks  pf  the 
trench  already  excavated.  The  machine  straddles  the;  trench, 
being  carried  on  heavy  timbers  lying  transversely  beneath  it. 
With  wide  trenches,  heavier,  firmer  timbers,  or  timber  ai^d  gteel 
platforms,  must  be  used,  and  the  shovel  removed  from  its  trucks 
and  placed  on  rollers  or  on  caterpillar  wheels. 

For  trench  excavation  the  regular  length  dipper  arm  is  taken 
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off  the  shovel  and  a  much  longer  dipper  arm  substituted. 
Ti-enches  are  dug  with  these  long  dipper  arms  from  14  to  18  ft. 
deep,  while  in  a:  few  cases  they  have  been  taken  to  a  depth  of 
from  20  to  22  ft. 

Shovels  meant  for  trench  work  vary  in  weight  from  25  to  45 
tons.  Heavier  shovels  than  these  are  apt  to  cave  in  the  sides  of 
the  trench,  and  are  difficult  to  move.  Even  a  45-ton  shovel  is 
often  too  heavy  for  this  class  of  excavation.  Such  Weight  shovels 
are  usually'  mounted  on  traction  wheels,  although  they  can  be 
mounted  on  railroad  trucks.  However,  for  trench  work  heavy 
shovels  are  generally  taken  off  their  trucks  and  mounted  on  sills. 
Truss  rods  are  not  used  unless  the  trench  is  wide.  Timbers, 
or  timbers  that  are  trussed  to  give  them  additional  strength, 
12x12  in.,  are  generally  used  for  this  purpose.  Some  con- 
tractors have  made  it  a  practice  to  build  a  platform  across  the 
trench  and  to  place  the  shovel,  mounted  on  its  traction  wheels, 
on  this  platform.  This  practice  is  wrong  when  the  trench  is  very 
deep  and  of  considerable  length.  The  shovel  is  raised  a  foot  or 
so  higher  than  it  would  be  were  the  wheels  removed.  However, 
when  the  shovel  must  often  be  moved  from  one  stretch  of  sewer 
to  another,  it  should  be  left  on  its  wheels  and  sectional  plat- 
forms used  for  supporting  it  above  the  trench. 

In  Fig:  5  the  usual  method  of  mounting  a  shovel  Jor  narrow 
trench  work  is  shown.  Heavy  planks  should  always  be  laid 
down  for  the  rollers  to  run  on.  It  is  generally  well  to  have  the 
rollers  long  enough  to  admit  of  two  holes  being  bored  through^ 
the  ends  so  that  bars  can  be  used  to  straighten  up  the  rollers 
when  necessary,  and  also  to  move  the  machine  by  means  of  bars. 
However,  the  machine  is  not  moved  in  that  manner  except  when 
steam  is  not  up.  In  Fig.  5,  a  small  drum  is  shown  beneath  the 
machine.  -From  this  drum  a  hauling  line  is  run  to  a  dead  man 
placed  several  himdred  feet  ahead  of  the  machine,  and  the  shovel 
is  moved  by  its  own  steam  by  winding  up  this  line  on  the  drum. 

The  shovel  roughly  shapes  the  bottom  of  the  trench,  and  the 
work  is  completed  by  a  small  gang  of  men  working  under  the 
body  of  the  machine.  They  cast  the  earth  ahead  so  as  to  enable 
the  shovel  to  remove  it. 

The  shovel  is  mounted  very  low  for  deep  digging.  It  is  pos- 
sible to  carry  the  truss  rods  below  the  natural  surface  of  the 
ground  in  trench  digging,  as  they  will  not  interfere  with  the 
work  if  they  are  properly  placed  on  the  timbers.  When  the 
shovel  is  to  be  moved  over  the  ground  from  one  trench  to  an- 
other, the  whole  frame  can  be  jacked  up  and  timbers  placed  over 
the  rollers,  thus  raising  the  frame  to  such  a  height,  so  that  the 
truss  rods  will  not  interfere  with  the  ground  as  the  shovel  is 
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moved.  There  is  no  reason,  however,  why  heavy  12-in.  steel  I 
beams  should  not  be  used  in  place  of  the  tiipber,  thus  doing  away 
with  the  truss  rods,  and  channel  irons  could  be  used  on  each  side 
in  place  of  the  longitudinal  timbers,  thus  allowing  the  shovel 
to  be  moimted  lower. 

Shovels  of  the  revolving  type  are  best  for  the  excavation  of 
narrow  trenches.  Instead  of  mounting  the  shovels  on  a  skele- 
ton frame,  a  platform  can  be  built  to  hold  the  turntable,  thus 
adding  to  the  height.  However,  with  steel  beams,  this  height 
could  be  reduced.  A  good  motto  to  follow  is  to  keep  the  shovel 
low.  No  matter  how  the  machine  is  mounted,  arrangements 
should  be  made  to  hold  the  shovel  in  its  position  while  digging, 
for  in  hard  excavation,  unless  this  is  done  the  shovel  will  back 
away  from  the  breast  and  much  time  is  lost. 

Additional  Points  in  Using  a  Steam  Shovel.  Engineering  and 
Contracting,  July  19,  1916,  gives  the  following:  In  digging 
large  trenches,  the  following  hints  may  be  useful. 

First. — Change  the  position  of  the  levers  that  operate  the 
shovel,  placing  them  about  5  it.  outside  the  shovel-house,  on  an 
extension  platform  built  for  the  purpose.  Standing  there  the 
operator  can  see  the  bottom  of  the  trench  even  where  it  is  25 
ft.  or  more  deep. 

Second. —  Remove  the  traction  wheels  and  mount  the  shovel 
on  rollers  that  rest  on  tiinbers  laid  on  opposite  sides  of  the 
trench.  The  shovel  is  shifted  by  means  of  a  cable  anchored  to 
a  deadman,  and  operated  by  the  main  engines.  A  60-iton-Dr  70- 
ton  shovel  can  be  moved  on  rollers  120  ft.  per  hour  over  level 
ground. 

Third. —  Ordinarily  it  is  best  to  "excavate  a  deep  treneh  (18  ft. 
or  more  deep)  in  two  "lifts"  or  benches.  Work  one  day  on  the 
upper  bench,  then  back  up  and  work  the  next  day  on  the  lower 
lift. 

In  the  upper  "  bench '"  use  two  50,-ft.  I  beams  as  "  rangers  "  to 
support  the  "  sheeting  "  of  vertical  planks.  One  I  beam  is  placed 
horizontally  on  each  side  of  the  trench,  about  half  way  up  the 
"  lift,"  and  jackscrew  -braces  every  20  ft.  hold  the  I  beams  and 
sheeting  in  place.  Regular  timber  rangers  and  braces  are  also 
used,  but  some  of  these  must'  be  temporarily  removed  when  the 
shovel  is  digging  out  the  lower  bench  or  lift,  and  then  it  is  that 
the  I  beams  hold  the  sheeting  in  place.  When  the  shovel  is 
shifted  forward  (15  ft.  or  so),  the  I  beams  are  fastened  to  the 
shovel  and  moved  forward  with  it,  after  loosening  the  jackscrews 
that  hold  the  I  beams  apart.  It  takes  about  half  an  hour  to  shift 
a  large  shovel  forward  15  ft.  on  rollers. 
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Sheeting  and  Bracing  Tinder  Steam  Shovels.  Engineering  and 
Contracting,  June  14;  1911,  gives  the  follawing: 

Sheet  jjhiuking  sliould  be  cut  to  the  proper  length  as  they  can- 
not be  driven  but  must  be  placed  after  the  trench  has  been  dug 
the  full  depth.  When  the  shovel  is  carried  on  a  permanent  plat- 
form this  serves  as  a  convenient  carrying  place  for  the  shoring 
also.  If  the  banks  vpill  stand  up  without  shoring  it  is  cheaper 
to  do  that  afterward.  However,  the  pressure  on  the  banks  caused 
by  a  shovel  is  great,  and  no  chances  should  be  taken.  In  very 
treacherous  ground  the  shoring  should  always  be  kept  up  close  to 
the  point  of  digging,  but  it  is  permissible  to  brace  the  trench 
temporfirily  and  to  put  in  the  permanent  shoring  after  the  shovel 
has  passed. 

Bracing  must  be  accomplished  very  rapidly  or  the  shovel  will 
be  materially  delayed.  As  soon  as  the  dipper  enters  the  trench 
for  its  las't  stroke  the  operator  blows  the  whistle'  and  the  sheet- 
ing men  prepare  to  act.  When  the  upward'  stroke  of  the  shovel 
.  is  half  completed  these  men  quickly,  place  the  stringers  and  braces. 
The  work  call,s.for  great  speed  as  a  cave-in  may  occur  in  a  few 
seconds. 

In  some  cases  the  trench  is  braced,  in  the  portion  being  exca- 
vated, by  two  stiflF  steel  beams  with  a  cross  brace  at  each  end. 
The  rear  end  of  these  beams  is  carried  by  chains  hung  from  the 
frame  of  the  shovel,  and  the  forward  end  rests  on  the  ground. 
These  beams  are  used  at  a  depth  of  2  ft.  or  so  below  the  ground 
surface.  "In  moving  these  beams  ahead  the  forward  chaiiL  at- 
tached to  them  is  caught  over  the  dipper  and  pulled  ahead  by  a 
forward  stroke  of  the  dipper,  as  in  Fig.  6. 

Sometimes,  especially  when  the  soil  is  soft  and  alluvial  or  in 
sand,  the  sheeting  can  be  driven  along  the  line  of  the  proposed 
trench,  and  the  material  afterwards  excavated  with  a  steam 
shovel.  The  cost  of  steam  shovel  operations  under  such  con- 
ditions was  a-s  follows: 

In  New  Orleahs,  using  a  half-yard  dipper  25-toii  steam  shovel 
over  a  trench  14  ft.  wide  and  12  ft.  deep,  855  lin.  ft.  of  trench, 
or  5,320  .  cu.  yd.  of  earth,  were  dug  in  55 .  hr.  of  work.  The 
soil  was  alluvial  river  mud  in  an  old  partly  drained  cypress 
swamp,  consisting  of  14  cypress  roots  and  stumps.  The  sheet- 
ing for  the  trench  sides  had  been  driveri  ahead  of  the  shovel  and 
the  bracing  was  carried  on  simultaneously  with  the  digging  of 
the  trench.  As  the  sheeting  and  bracing  were  a  part  of  the 
permanent  construction  of  the  canal,  a  temporary  set  of  stringers 
and  braces  was  used  for  the  operation  of  the  shovel.  The  labor- 
cost  of  this  trenching;  including  the  bracing,  was  8  ct.  per  cu. 
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yd.  To  this  expense  should  be  added  the  expense  of  moving  the 
shovel  on  and  off  the  job,  which  amounted  to  4  ct.  additional, 
making  the  total  cost  12  ct.  per  eu.  yd. 


Fig.   6.    Moving   Steel   Walings   Used   in    Steam    Shovel   Trench 

Work. 


In  work  in  sand  on  Long  Island  steel  sheet  piling  for  small 
trenches  excavated  by  a  steam  shovel  was  proposed.  For  this 
purpose  the  following  tools  and  material  were  purchased. 

600  .pieces  of  No.,  12  Wemlinger  sheeting,  each  10  ft. 

ilong,  at  28  .  ct.-  per  sq .  ft $1,680.00 

,800  lin.  ft.  of  .3x8-in.  timber  at  $28  per  M 44.80 

100  extension  braces  at  $1.00 100.00 

200  ft.  of  marlin  wound  steam  hose  at  46  ct.  per  ft...  92.00 

1' steam  pile  hammer 200.00 

1  driving  cap    , 10.00 

Total  cost  of  pile  driving  outfit   $2,126.80 

The  intention  was  to  have  the  steam  shovel  furnish  the  steam 
required  for  power.  Sheeting  would  then  be  driven  in  place 
ahead  of  the  shovel  by  u.  pile  hammer.     This  plan  of  work  was 
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never  carried  out,  because  it  was  feared  tliat  witii  narrow 
trenches  widths  on  curves,  and  with  a  caving  soil,  a  steam  shovel 
would  prove  an  uneconomic  tool.  However,  given  wider  trenches 
and  better  soil  this  method  of  driving  piles  might  prove  eco- 
nomical. 

Method  of  Supporting  Small  Shovels.  The  following  is  from 
the  Excavating  Engineer,  June,  1914,  and  Jan.,  1915: 

An  18-ton  Bucyrus  revolving  steam  shovel  digging  trenches  at 
Washington,  D.  C,,  is  illustrated  in  Fig.  7.  This  machine  was 
equipped  with  a  27-ft.  dipper  handle,  enabling  it  to  dig  to  a 
depth  of  18  ft.  The  dipper  had  a  capacity  of  %  cu.  yd.  It  was 
fitted  with  five  forged  teeth,  three  on  the  front  and  one  on  each 
side. 

The  machine  was  carried  on  seven  12xl2-in,  timbers  spanning 
the  trench.  These  timbers  were  fitted  with  U-bolts  and  were 
moved  forward  by  means  of  a  chain-sling  hung  from  the  dipper. 
On  the  traction  wheels  of  the  shovel  a  double  flange  of  riveted 
channel  irons  enabled  the  machine  to  travel  on  sections  of  rail. 
These  sections  were  3  ft.  long. 

An  18-ton,  %-cu.  yd.  dipper  Bucyrus  revolving  shovel  was  used 
for  excavating  trench  for  a  36-in.  water  pipe  aj;  Cincinnati,  O., 
during  the  fall  of  1914.  The  shovel  was  carried  on  cross  beams, 
joined  in  sets  of  two,  resting  on  longitudinal  stringers  laid  beside 
the  trench.  The  traction  wheels  rested  directly  on  planks  laid 
on  the  cross  beams.  The  trench  was  excavated  5  ft.  wide  and 
7  ft.  deep.  The  material  was  yellow  clay  and  stony  subsoil.  The 
rate  of  digging  averaged  300  lin.  ft.,  or  390  cu.  yd.  per  day,  with 
a  maximum  of  375  lin.  ft.  in  10  hr.  Although  the  dipper  was  not 
furnished  with  teeth,  no  difficulty  was  experienced  in  excavating 
this  kind  of  material. 

The  pipe  was  usually  handled  by  two  traveling  derricks,  but 
where  these  could  not  be  readily  used,  the  pipe  was  handled  by 
the  shovel.     Each  section  of  pipe  weighed  6,500  lb. 

Cost  with  a  Revolving  Shovel  at  Auburn,  N.  Y.  The  method 
pursued  in  excavating  13  miles  of  pipe  sewer  trench  at  Auburn 
during  1919  is  described  in  Engineering  and  Contracting,  Mar. 
2,  1910.  The  sewers  varied  in  diameter  between  5  and  24  in. 
Trenches  were  ordinarily  dug  1  ft.  wider  than  the  diameter  of 
the  sewer.  The  average  depth  was  9  ft.,  and  the  greatest  depth 
was  19  ft.  The  material  excavated  was  clay  and  glacial  drift, 
with  embedded  boulders.  Pockets  of  quicksand  were  encountered 
at  places.  The  upper  3  to  5  ft.  were  good  digging,  the  remainder 
being  difficult.  The  quicksand  pockets  and  stonier  parts  that 
required  blasting  were- excavated  by  hand. 

Sheeting  of  2-in.   cull   oak   planks,   set  vertically,   and   braced 
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with  extension  braces,  were  psed  in  the  quicksand  and  in  wet 
places.     About  3,000  lin.  ft.  of  trench  required  sheeting. 

The  shovel  used  for  excavating  the  major  portion  of  the  trenches 
was  a  No.  1  revolving  Vulcan  Steam  shovel,  weighing  35  tons, 
mounted  on  traction  wheels,  and  equipped  with  a  %-cu.  yd.  dip- 
per and  a  27-ft.  dipper  handle.  This  machine  could  dig  to  depths 
of  16  ft. 

The  timber  platform  used  to  support  the  machine  was  in  three 
sections  of  a  design  similar  to  that  previously  descriljed.  Each 
move  forward  of  the  shovel  occupied  4  to  5  minutes. 

Pipe  was  laid  directly  beneath  the  shovel,  and  the  niaferial 
was  used  for  backfilling  as  fast  as  it  was  excavated,  the  shovel 
making  a  swing  thrpugh  an  arc  of  180°  and  dumping  the  earth 
directly  at  the  rear.  When  rock,  boulders  or  other  obstructions 
prevented  the  completion  of  the  trench  to  grade,  the  excavated 
earth  was  piled  alongside  the  trench  and  the  shovel  was  not  held 
up. 

The  crew  required  numbered  20.  Assuming  the  rates  of  wages 
then  current,  the  daily  coal  and  labor  cost  was  as  follows: 

1  engineman $5.00 

1  fireman     3.00 

3  laborers  placing  track,  etc.,  at  $1.50   :        4.50 

4  men  placing  sheeting  6.00 

2  men  placing  ^extension  braces 3.00 

1  man  cai-rying  planks   ..'..'....... 1.50 

2  pipe  layers  at  $2.00  4.00 

2  Ripe  handlers  at  ,$1.50  : 3.00 

2  mortar  mixers 3.00 

1  instrument    man 3.00,. 

1,200  lb.  of  coal 3.00 

Total $39.00 

From  90  to  125  lin.  ft.  of  4-ft.  x7-ft  deep  trench,  or  50  to  75 
Jin.  ft<  of  4xl2-ft.  trench  were  excavated  per  8-hr.  day.  This 
gives  a  daily  yardage  of  90  to  135  cu.  yd.  excavated. 

Steani  Shovel  Work  in  Milwaukee.  In  Engineering  and  Con- 
f^acting,  Feb.  26,  1908,  Geo.  E.  Zimmerman  gives  the  following. 
Mr.  Zimmerman  began  using  a  Vulcan  shovel  for  sewer  work 
in  1903,  He  stated  that  a  shovel  paid  best  on  trenches  4  to  10 
ft.  wide,  and  that  he  preferred  a  trench  excavator  for  pipe  sewer 
and  water  main  wor_k. 

The  shovel  was  mounted  on  traction  wheels,  arid  was  carried  y, 
above  the  trench  on  a  timber  platform.  This  platform  was  con- 
structed of  6  x  8-in.  X  16-ft.  timbers  laid  across  the  trench  with 
two  "  rails  "  of  two  heavy,  plank  laid  side  by  side  with  broken 
joints  to  form  a  track.  In  order  not  to  delay  the  progress  of 
the  shovel,  about  40  cross-timbers  were  required. ,  This  method 
of  supporting  the  shovel  is.  not  as  economical  as  the  platform 


■  796  HANdBOOIv  of  EARl'H  EXCAVATION 

used  for  similar  work  previously  described.  With  separate  cross- 
timbers  it  was  necessary  for  the  pitmen  to  carry  about  8  timbers 
forward  for  each  8-ft.  move. 

The  working  force  consisted  of  the  following  men^: 

1  engincman    $  5.00 

1  craneman    ."1 3.50 

4  laborers  at  $3  12.00 

Coal    ; 3 .00 

Total J23.50 

About  one-half  of  the  time  was  spent  in  shoring  the  treneh  and 
,  moving  the  shovel  ahead.  The  cost  of  digging  depended  on  the 
nature  of  the  ground.  An  8  x  14-ft.  trench,  2,200  ft.  long,  cost 
38  ct.  per  lin.  ft.,  or  at  the  rate  of  9.3  ct.  per  cu.  yd.  Mr.  Zim- 
mefmann  estimated  that  the  same  trench  if  dug  by  hand  would 
have  cost  61  ct.  per  cu.  yd. 

Steam  Shovel  Work  at  Wllmette,  111.  The  Excavating  Engi- 
neer, Oct.,  1914,  gives  the  following: 

The  trench  for  a  concrete,  elliptical,  6  x  9-ft.  sewer  near  Chi- 
cago was  dug  by  a  Bucyrus  60-ton  steam  shovel.  This  machine 
was  equipped  with  a  1.5-yd.  special  trench  dipper,  a  50-ft.  dipper 
handle,  and  a  36-ft.  boom.  The  shovel  was  mounted  on  heavy 
trusses  -spanning  the  trench  and  traveled  on  skids  and  rollers. 
The  operating  levers-  were  carried  on  a  special  platform  at  the 
right  hand  side  of  the  deck,  thus  enabling  the  operator  to  get  a 
clear  view  of  the  trench  being  dug.  The  material  was  loaded  into 
twenty-four  4-yd.  dump  cars,  drawn  in  three  trains  by  three  18- 
ton  locomotives.  The  shovel  was  drawn  ahead  in  16-ft.  moves  by 
a  cable  attached  to  a  deadman.  At  the  end  of  each  move  the  ma- 
chine stopped  long  enough  to  enable  the  sheeting  gang  to  sheet 
and  brace  the  trench.  The  trench  was  dug  to  within  6  in.  of 
the  specified  width  and  within  a  few  inches  of  grade.  Two  men 
shaped  the  bottom  of  the  trench  with  mattocks. 

The  sheeting  was  of  vertical  planks,  with  horizontal  rangers 
held  apart  by  wood  braces  fitted  with  pack  screws,  These  braces 
were  spaced  5  ft.  apart. 

The  material  was  hauled  back  to  the  completed  section  of  the 
sewer  and  used  for  backfill,  the  earth  being  dumped  directly  from 
the  cars  into  the  trench  alongside. 

Except  for  a  soil  topping  the  material  was  stiff  blue  clay,  mak- 
ing very  heavy  digging.  The  trench  was  in  general  22  ft.  deep 
and  8  ft.  wide.  The  rate  of  advance  of  the  shovel  was  limited, 
however,  by  the  speed  of  the  concrete  gangs  behind.  The  average 
rate  of  digging  was  5  to  6  moves,  or  78  to  96  ft.,  or  585  to  729 
cu.  yd.  per  9  hr. 
'  Steam  Shovel  Trenching  at  the  Chicago  Clearing  Yards.    The 
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following  data  are  from  Engineering  Record,  August  2,  1902,  and 
Engineering  News,  November  7,  1901. 

The  territory,  about  4,000  acres  occupied  by  the  Chicago  Trans- 
fer and  Clearing  Co.,  was  drained  into  the  Illinois  and  Michigan 
Canal  by  concrete  sewer?.  The  width,  of  the  necessary  trench  was. 
14  ft.  at  the  ground  surface  for  90-in.  sewers,  and  7  ft.  for  36-in.' 
sewers.  A  75-ton  Vulcan  steam  shovel,  with  a  1.5-yd.  dipper  and 
a  367ft.  dipper  arm,  was  used  for  excavating  the  larger  trenches. 
A  Bucyrus  shovel  with  a  %-yd.  dipper  was  used  for  the  smaller 
trenches.  The  sheeting  and  bracing  were  put  in  as  the  work  pro- 
gressed, the  sheeting  being  composed  of  planks  set  vertically,'  and 
the  bracing  of  extensible  iron  iubing.  On  some  days  the  Vulcan 
output  was  double  the  'average  output  given  below.  The  deeper 
trenches  were  excavated  by  the  shovels  to  a  depth  of  20  ft.,  leav- 
ing 2  to  4  ft.  to  be  taken  out  by  hand.  Hand  excavated  material 
was  loaded  into  buckets,  raised  by  a  swing-boom  derrick,  mounted 
directly  over  the  trench.  About  12  men  in  groups  of  4  men 
each,'  loaded  these  2-yd.  buckets.  A  gang  of  12  men,  working  in 
hard  blue  clay  and  carefully  trimming  for  the  invert,  easily  ex- 
cavated the  4-ft.  bottom  layer  of  the  90-in.  sewer  for  a  length 
,of  100  ft.,  in  10  hr.  Very  little  picking  was  done.  Round  pointed, 
shojt  handled  shovels  with  foot-irons  were  most  'effective. 

The  backfilling,  was  done  entirely  by  a  swing-boom  derrick, 
straddling  the  trench  and  mounted  on  rollers,  which  operated  a 
scraper.  This  scraper  was  made  of  the  bowl  of  a  wheel-scraper 
fitted  with  a  bail  and.  handles.  The  cable  was  ^endless,  passing 
around  the  drum  of  a  doUble-pylinder  engine  and  through  a  sheave 
at  the  end  of  the  boom,  and  served  to  draw  the  scraper  backward 
and,  for  ward.  Two  men  held  the  scraper  while  it  was  being  filled. 
The  machine  with  an  engineman,  fireman,  and  2  loaders,  back- 
filled 900  cu.  yd.  per  day.  No  tamping  was  reqii'ired.  In  trenches 
12.5  ft.  wide  and- 17  to  20  ft.  deep  the  Vulcan  shovel  averaged 
570  cu.  yd.  per  10-hr.  day.  In  trenches  6.5  ft.  w;ide  and  11  to 
14  ft.  deep  the  Bucyrus  shovel  averaged  305  cu.  yd.  per  day. 

Steam  Shovel  Work  on  Chicago  Sewers.     In  Engineering  and  ■ 
Contracting,  Feb.  11.  1914,  H.  R-  Abbott  gives  the  methods  and 
costs   of  constructing  large  brick  and  concrete   sewers   in   West 
39th  St.,  Chicago.  ,  ,-,.,, 

The  total  length  of  the  West  39th  St.  conduit  was'  ^',346  ft., 
of  which  1,868  ft.  was  plain  concrete  and  478  ft.  was  reinforced 
concrete.  The  conduit  was  elliptical  in  section  and  12x14  ft. 
in  interior  size.     The  concrete  was  froin  12  to  20  in.  thick. 

Excavation  was  started  at  the  Western  Ave.  end  in  open  cut. 
A  Bucyrus  70-ton  steam  shovel  was  used  with  1%-cu.  yd.  dipper. 
The  shovel  was  mounted  on  five  16xl8-in.  timbers,  30  ft.  long, 
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with  two  2-in.  truss  rods  to  each  timber.  The  top  4  ft.  of  trench 
was  excavated  about  3  ft.  wider  than'  the  outside  lines  of  the 
masonry,  since  no  bracing  was  put  in  near  the  top  of  the  trench. 
Kelow  this  the  trench  excavation  was  made  to  the  exact  width  of 
the  masonry,  plus  an  allowance  of  4  in.  for  sheeting.  ;  Although 
a  variation  in  and  out  was  unavoidable,  it  did  not  exceed  2  in. 
in  either  direction.  The  trench  Width  was  15  ft.  8  in.;  average 
cut  was  23  ft.  C  in.,  making  an  excavation  of  13.7  cu.  yd.  per 
running  foot.  On' account  of  the  deep  cut,  the  shovel  was  equipped 
with  a  36-ft.  boom  and  a  54-fti  dipper  handle.  As  there  was 
liability  of  slides  and  eave-ins,  the  excavation  was  handled  in 
two  lifts.  On'the  first  run  the  shovel  excavated  the  top  10  ft., 
using  9-ft.  sheeting  with  one  set  of  bracing  placed  about  6  ft. 
below  the  ground  surface.  The  shovel  dug  ahead  of  the  finished 
cut  from  75  to  100  ft.,  then  backed  up  and  excavated  the  lower 
13%  ft. 

!The  lower  lift  was  taken  out  between  ^eel  beams,  each  built 
up  of  two  10-in.  I-beams  with  cover  plates,  50  ft.  long,  held  in 
place  by  screw  braces  set  7  ft.  back  from  each  end.  This  re- 
places the  ordinary  wobden  bracing  and  allows  a  free  movement 
of  the  dipper  in  the  trench  for  three  moves  or  36  ft.  When  a  sec- 
tion is  finished,  the  beams  are  carried  ahead  by  the  dipper,  the 
wooden  braces  are  replaced  on  the  top '  sheeting,  and  another  set 
of  9-ft.  sheeting  is  placed  with  two  sets  of  braces  for  the  lower 
portion '  of  the  trench,  the  lower  end  of  the  sheeting  being  at  a 
point  where  the  invert  curve  meets  the  side  wall.  The  lower 
sheeting  hack  of  the  concrete  was  left  in  permanently.  The 
bottom  was  trimmed  arid  shaped  by  four  or  five  bottom  men, 
the  material  being  cast  ahead  where  the  shovel  could  reach  it. 
An,  iron  frame  or  template  built  to  the  dimensions  of  the  outside 
lines  of  the  masonry  was  set  up  every  12  ft.  as  a  guide  in  trim- 
ming the  sides.  The  excavated  material  was  loaded  direct  from 
the  shovel  on  to  4-cu.  yd.  dump  cars  operating  on  a  3-ft.  gage 
track.  Ordinarily,  the  upper  lift  made  the  backfill;  and  the  lower 
lift  was  run  to  a  spoil  area  in  McKinley  Park,  a  haul  of  about  % 
mile.  The  sheeting  was  2 x  10-in.  hemlock,  the  braces  8x8  in. 
and  6  x  6  in.,  with  stringers  6x8  in.  of  yellow  pine. 
,  Concrete  was  mixed  in  a  mixer  mounted  on  timbers  spanning 
the  trench  and  delivering  through  spouts.  The  section  contained 
about  2.5  cu.  yd.  per  lin.  ft.  and  a  daily  average  of  75  cu.  yd. 
was  placed. 

The  average  progress  per  day  of  9  hr.  was  30  lin.  ft.  for  both 
shovel  and  mixer  for  the  plain  concrete  section.  This  meant  420 
cu.  yd.- of  excavation,  with  disposal  in  backfill  or  spoil  bank. 

On  the  mixer  platform  was  mounted  a  small  boom  derrick  and 
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hoisting  engine.  This  facilitated  the  removal  ol  stringers  and 
braces  and  pulled  the  mixer  pla,tform  back  and  forth. 

Backfill  was  made  by  4  yd.  dump  oars,  the  track  being  shifted 
over  the  conduit  as  the  tilling, progressed.  ,  The  centers  were  left 
in  until  the  sides  were  thoroughly  compacted  and  at  least  1  ft.  of 
filling  had  been  placed  over  the  arch. 

The  force  e;nployed  was  as  follows: 

'  1  superintendent     18.00 

1  shovel    engineman    7.00 

3  dinkey   enginemen    3.60 

1  craneman    4.50 

1  fireman     3.00 

3  switchmen  , 2.25 

2  flagnien     1.75 

1  coal   passer    2.50 

3  foremen     .4.50 

1  hoisting    engineman    5.60 

4  bottom  men    3.85 

50  to  60  laborers  2.50 

1  team     5.00 

1  carpenter 4.80 

1  machinist    3.50 

1  machinist    helper    -    2.50 

lofflce.boy    .■■.■■ 2.00 

1  material  man 2.50 

1  watchman     i . . .. . ; 2.50 

3  Waterboys     .' '■ •  1.00 

The  cost  of  trenching  on  two  sections  was  as  follows  per  cu. 

yd.  of  trench: 

A  B 

Labor  excavatink   $0-188  $0,194 

Plant   excarating    ■■ 0,046  0.046 

I    Backfill     0.143  0.249 

;'    Disposal  of  waste    0,120  0.041 

f -Coal    ..:. ■ -- 0.090  0:090 

\_         Total     .-tv ■ ?0.587  $0,620 

In  building  10,000  ft.  of  brick  sewer  (7  to  7.S  ft.  diam.)  on 
South  .52d  Ave.,  the  average  progress  per  day  on  the  7-ft.  section 
was  45  ft.,  equivalent  to  330  cu.  yd.  of  excavation,  while  on  the 
7:^-ft.  section  the  a;verage  progress  was  70  ft.  per  day,  with  20 
ft.  cut  ov  500  cu.  yd.  of  ercavation  per  day.  The  difference  in 
the  progress  between  these  two  sections  was  partly  due  to  the 
fact  that  the  7i^-ft.  sewer  was  built  in  a  street  80  ft.  wide,  with, 
open  prairie  on  one  side  and  unlimited  room  for  work,  and  the 
7-ft.  section  was  built  in  a  66-ft.  street  with  scant  open  space 
adjacent  to  the  street. 

Backfilling    was    done    with    a    Monaghan    revolving    derrick, 
equipped  with  a  Page  orange-peel  bucket,  capacity  1  cu.  yd.     This- 
is  a  very  efficient  machine  for  backfilling,  but  the  operator  should 
avoid  ,  dropping   the    load   from    any   distance,    as    it   is    apt   to 
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crack  the  masonry,  especially  when  working  during  wet  weather, 
when  the  backfilling  is  saturated  with  water. 

Some  special  items  may  be  worthy  of  mention,  such  as  the  cost 
of  hand  excaVation  in  a  sewer  trench  of  this  size,  moving  plant, 
etc. 

In  one  case  the  steam  shovel  Could  not  take  out  the  bottom 
on  account  of  the  proximity  of  a  viaduct.  This  earth  was  scaf- 
folded out  at  a  cost  of  $1.06  per  cu.  yd.,  being  handled  four  times 
before  it  reached  the  spoil  bank. 

The  cost  of  moving  of  the  steam  shovel  a  distance  of  1,050  ft. 
across  a  railroad  yard  and  over  the  tunnel  section  was  $560,  or 
53  ct.  per  ft.  This  includes  the  partial  dismantling  of  the  shovel 
to  pass  under  obstructions.  At  the  start  the  shovel  was  taken  off 
the  railroad  spur,  moved  %  mile  and  placed  on  timbers  to  span 
the  trench,  at  a  cost  of  $750. 

A  Steam  Shovel  and  Conveyor  Plant.  Engineering  News,  Oct. 
11,  1894,  gives  the  following: 


Lno.Hews 

Fig.   8.     Sketch  Detail  of   Conveyor   Floor   and  Scrapers. 


In  the  construction  of  very  large  deep  sewers  a  large  part  of 
the  excavated  material  must  be  wasted  and  the  remainder  used 
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for  backfill.  For  this  reason  it  will  often  prove  economical  to 
dig  sewer  trenches  of  th,is  type  in  two  lifts  or  benches  ■  loading 
the  material  excavated  from  the  iipper  lift  onto  cars  for  dis- 
posal in  suitable  places  at  a  greater  or  less  distance,  and  shift- 
ing thp  material  as  fast  as  excavated  from  the  second  lift  to  the 
completed  part  of  the  sewer  for  use  in  backfllting.  These  methods 
were  pursued  in  the  construction  of  the  Wehtworth  Ave.  trunk 
sewer,  Chicago. 

The  Wentworth  Ave.  sewer  is  of  brick  with  diameters  of  5,  7 
and  10.5  ft.  for  6.5  miles,  and  diameters  of  2.5  to  5.5  ft.  for  3.75 
miles.  On  the  main  portions  the  cuts  were  often  very  deep, 
ranging  from  20_to  47  ft.  in  depth  for  a  distance  of  3  miles.  The 
ground  was  very  treacherous  in  places  and  for  that  reason  and 
because  of  the  great  depth,  special  methods  of  excavation  were 
required. 

The  excavation  and  backfill  were  performed  almost  entirely  by 
machinery. 

One  steam  shovel  excavated  the  top  soil  to  depths  as  great  as 
25  or  30  ft.,  loading  the  material  onto  flat  cars  on  track  directly 
alongside  the  trench.  This  track  connected  with  the  lines  of  the 
Illinois  Central  E.  R.,  and  the  excavated  material  was  removed 
to  a  distance  and  not  used  for  backfill. 

After  the  first  cut  had  been  completed  piles  were  driven  on 
3-ft.  centers,  in  two  rows  at  the  side  of  the  trench  and  about 
16.5  ft.  apart.  Timber  lagging  was  fastened  to  the  piles  on  the 
outer  sides.  When  the  removal  of  these  piles  did  not  bring  too 
great  a  pressure  upon  the  green  masonry  they  were  withdrawn 
upon  the  completion  of  the  brickwork. 

A  second  steam  shovel  on  rollers  travelled  on  12  x  12-in.  tim- 
ber caps  on  the  piles.  This  machine  excavated  between  the  rows  of 
piles.  The  material  in  the  deep  cuts  was  soft,  sticky  blue  claj'. 
As  the  excavation  deepened  the  side  pressure  tended  to  force  the 
piles  inward  and  the  extensible  iron  braces  often  buckled.  The 
material  excavated  in  the  lower  lift  was  dumped  directly  upon  a 
scraper  conveyor  operating  along  a  track  parallel  to  the  sewer. 
This  conveyor  carried  the  material  to  the  rear  of  the  brick  work, 
and  dumped  on  to  a  cross  conveyor  or  apron  which  led  the  ma- 
terial to  the  top  of  the  completed  sevi^er.  Thus  only  one  handling 
of  the  material  was  required.         ...:_,.,.     k.  ,^ 

The  conveyor  consisted  of  a  stationary  floor  mounted  on 
wheels  and  tracks,  over  which  a  series  of  scrapers  passed.  The 
scrapers  were  carried  between  two  endless  chains  that  passed 
over  sprocket  wheels  at  each  end  of  the  floor.  These  chains  were 
operated  from  a  power  car  at.  the  head  of  the  conveyor. 
The  conveyor  worked  satisfactorily.     The  speed  of  the  masons 
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determined  the  rate  of' progress  of  the  work  ^nd' the  machinery 
was  often  idle. 

A  Special  Backfilling  Wagon.  The  Excavating  Engineer, , Oct., 
1915,  gives  the  following: 

Pig.  9  illustrates  a  19-ton,  %-yd.'  dipper  Bucyrus  steam  shovel, 
loading  a  backfilling  wagon  on  trench  vifork  in  Chicago.  This 
shovel  was  mounted  on  traetion-wheels  and  carried  on  wooden 
platforms  spanning  the  trench.  These 'platforms,  six  in  all,  were 
24  ft.  loilg  by  3C  in.  wide.'  Fig.  10  illustrates  their  construction. 
They  were  made  of  two  12  x  12-in.' timbers,  24  ft.  long,  armored 
on  the  inner  faces  by  %-in.  plates:  They  were  separated  by  an- 
other 12-in.  timber,  14  ft.  long  with  the  center  cut  away  for  the 
insertion  of  steel  straps,  on  which  was  hung  a  ring  for  handling. 


-^'f-a- 


^S>>^^V>^>>t^::=^^»>»»^^ 


'^f/la^s       I  ^Ring -for  Hand  line) 

Fig.  10.     Platform  Used  by  W.  J.  iNewman  for  Mounting  Eevdlv- 
ing  Shovel  for  S'ewer  Work. 

The  work  was  done  in  the  construction  of  a  5.5-ft.  circular 
brick  sewer  on  Canal  street.  -  The  i;renoh  was  from.  .14  to  20  ft. 
in  depth,  and  %  ft.  wide.  The  material  was  tough  blue  clay  with 
occasional  boulders;  a  hard  material  to  dig,  but  one  which  re- 
quired comparatively  little  -  sheeting.  The  progress  was  from 
60  to  85  lin.  ft.,  per  10-hr.  day.  ;  ,       \ 

The  method  of  handling  the  backfill  was  unusually  successful. 
Two  wagons  designed  especially  by  W.  J.  Newman,  consisting 
of  an  ordinary  wagon  truck  on  which  was  mounted  a  triangular 
box,  -the  top  of  which  was  about  10  ft.  above  the  ground,  were 
used  for  this  purpose.  The  floor  of  the  box  was  a  chute,  start- 
ing at  the  top  of  the  box  and  extending  at  an  angle  of  about 
45°  a  distance  of  about  3  ft.  over  the  side  of  the  wagon.  This 
side  of  the  wagon  consisted  of  a  hinged  door  controlled  by  a  lever 
beside  the  driver's  seat.  Each  wagon  had  a  capacity  of  3  cu. 
yd.  The  excavated  material  was  loaded  into  this  wagon  and 
then  carried  to  the  point  in  the  trench  which  was  to  be  back- 
filled, where  the  door  was  opened  and  the  material  was  chuted 
into  place. 

Besides  the  shovel  crew  there  were  4  men  in  the  trench  shap- 
ing for  the  forms  and  handling  the  sheeting.     These  men  assisted 
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m  handling  the  platforms  when  moving  forward.     Two  men  were 
employed  tamping  backfill. 

Rapid  Work  with  Small  Steam  Shovel.  According  to  Engi- 
neering and  Contracting,  Oct.  18,  1916,  a  Model  18  shovel,  made 
by  the  Osgood  Company  of  Marion,  Ohio,  made  excejptional  prog- 
ress. The  shovel  which  was  equipped  with  a  19-ft.  dipper  handle 
and  %-cu.  yd.  dipper  is  stated  to  have  excavated  a  sewer-  trench 
46  in.  wide,  15  ft.  deep  and  150  ft.  long  in  a  9-hr.  day.  The  ma- 
terial consisted  of  very  dry  and  hard  clay  mixed  with  boulders. 
After  the  pipe  was  laid  the  shovel  refilled  the  trench.  On  another 
job  this  machine,  similarly  equipped,  excavated  a  sewer  trench 
17  ft.  deep,  9  ft.  wi^e  and  76  ft.  long  in  7^  hr.,  loading  one-half 
of  the  material  into  wagons  and  depositing  the  other  half  on  one 
aide  of  the  trench. 

Steam  Shovel  Costs  on  Sewer  Work  in  New  York  City.  En- 
gineering and  Contracting,  Dec.  2,  1908,  in  a  long  article  on  sewer 
construction  in  the  Bronx  Borough,  N.  Y.  City,  gives  costs  of 
steam  shovel  work  on  the  Whitlock  Ave.  Sewer.  A  No.  2  Giant  re- 
volving trench  shovel,  made  by  the  Vulcan  Co.,  was  used.  It 
was  operated  by  a  crew  of  a  shovel'  runner,  cranesman,  fireman 
and  4  ground  men.  A  smaller  crew  than  this  could  be  used,  but 
more  efficient  work  is  done  with  such  a  crew,  and  it  is  generally  . 
poor  eeononiy  to  attempt  to  save  money  by  having  a  small  crew 
in  steam  shovel  work,  except  where  the  amount  of  excavation  to 
be  done  daily  is  limited. 

This  shovel  worked  in  a  hard  clay  with  a  good  many  boulders 
in  it,  the  boulders  generally  being  smaller  than  %  cu.  yd.  A  fair 
day's  work  in  this  material  was  about  300  cu.  yd.,  working  only^ 
8  hours!  The  shovel  on  a  number  of  occasions  dug  250  cu.  yd. 
in  4  hr.,  which  is  at  the  rate  of  500  cu.  yd.  per  8-hr.  day.  ;  The 
cost  of  running  the  shovel  a  day  was  as  follows: 

Shovel  runner,  at  $175  per  month  $  6.65 

.  •         Graneman,  at  $140  per  month  5.40 

Fireman,"  at  $60  pel'  month   2.30 

4  laborers,  at  $^.25  per  day 10.00 

^  .      1,800  lb.  of  coal,  at  $3:50  3.15 

Oil  and  waste    0.50 

Interest,  depreciation  and  repairs  (estimated) 6.00 

Total  per  day  $34.00 

The  cost  of  the  plant  was  about  $5,000,  and  the  estimated  item 
of  interest,  depreciation  and  repairs  based  on  200  working  days 
per  year,  with  an  annual  allowance  of  24%.  With  an  output  of 
300  cu.  yd.  per  day  the  cost  per  cu.  yd.  was  as  follows : 

Shovel  runner    $0,022 

Graneman     ..' 0.018 

Fireman -0.008 
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Laborers    $0,033 

Coal     U.UIO 

Oil  and  waste   0.002 

Plant     0.020 

Total  per  eu.  yd $0,113 

This  machine  was  moved  over  the  streets,  a  distance  of  about 
14  a  mile.  The  time  consumed  was  three  days,  the  cost  of. moving 
being : 

Shovel    runner    : $  19.95 

Cranem&n     16.20 

rireman : 6.90 

4    laborers    i .i....j 30.00 

6  extra  men    ... 36.00 

2,700  lb.  of  coal  5.22 

Oa  and  waste   0.50 

Total    $114.77 

This  means  a  cost  of  about  $230  per  mile  moved.  In  moving 
the  shovel  long  distances,  it  can  be  taken  off  its  truss  work  and 
mounted  on  heavy,  wide  tread  traction  wheels,  whereby  the  cost 
of  moving  is  materially  reduced. 

Use  of  Steam.  Shovel  on  Curved  Trenches.  Richard  T.  Dana,  in 
an  analysis  of  trenching  methods  and  costs,  given  in  Engineering 
Record,  May  23,  1914,  is  authority  for  the  following  costs  on 
steam  shovel  trenching:  ' 

Trenches  were  dug  for  the  purpose  of  laying  sanitary  and 
storm-water  pipe  of  varying'  diameters  from  4  to  36  in.  of  tile 
and  concrete,  and  also  for  cast-iron  water  pipe  from  4  to  12  in. 
in  size.  Nearly  all  of  the  work  was  on  curves,  since  the  sewer  and 
pipe  lines  had  to  be  between  the  curbs  of  the  streets,  and  curved 
streets,  while  not  economical  to  construct,  were  considered  artistic 
and,  therefore,  desirable  notwithstanding  the  extra  c,ost. , 

The  shovel  was  of  the  25-ton,  revolving  type,  mounted  on  trac- 
tion wheels.  The  entire  mechanism  was  under  the  control  of  the 
runner,  and  the  shovel  was  fitted  with  a  dipper  arm  and  1-yd.  dip- 
per specially  designed  for  trench  work,  with,  an  interchangeable 
boom  capable  of  handling  a  small  orange-peel  bucket  for  cellar  or 
stock-pile  work.  The  platform  upon  which  the  shovel  worked 
consisted  of  12  timbers  of  12  x  12-in.  section^  spaced  4  iti.  apart, 
and  bolted  together  in  sections  of  three.  These  twelve  timbers 
rested  upon  planks  laid  upon  the  ground.  On  top  of  the  timbers 
and  running  transversely  to  them,  near  each  end,  were  planks 
upon  which  the  traction  wheels  rested  directly.  To  move  up  after 
a  completed  section  had  been  sheeted,  the  shovel  swung  around 
and  with  a  chain  picked  up  one  of  theysections,  and  swung  back 
again  and  placed  it  iipon  the  planks  which  the  laborers  had  laid 
ahead.  Then  after  the  plank  track  had  been  liid,  the  shovel 
moved  forward  under  its  own  power. 
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In  Table  1  the  time  given  under  "  time  worked  by  Bhovel "  in- 
cludes all  time  of  moving  up  and  waiting  for  sheeters  before 
moving  up,  as  well  as  the  actual  digging  time  of  shovel.  It  is 
that  time  which  could  rightly  be  charged  to  the  shovel.  But 
when  the  sheeting  gave  out  *nd  the  shovel  was  idle,  as  fre- 
quently happened  during  the  experiment,  such  time  was  not 
charged  to  the  shovel.  This  suggests  one  very  important  point, 
namely,  always  to  have  sufficient  supplies  and  material  on  hand 
to  prevent  high-priced  machinei-y  from  being  idle. 
'  At  times  considerable  time  was  lost  on  account  of  caving  banks. 
Curves  caused  a  delay  of  14%  on  one  day  and  50%  on  another. 

TABLE     I  — WORK    OF    25-TON     REVOLVINe     SHOVEL  —  ONE-DAY 
PEBFOBMANCE 

Kind  of  shovel 25-ton 

Offpacity    of    dipper    .; .■ 1yd. 

Length  of  move 4  ft. 

Number  of  moves    > : 20 

Average  time  to 'Sheet  trench  before  moving-up 9.2  min. 

Average  time  to  move  up  4.5  min. 

Time  worked  by  shovel  565  min. 

Cut     .:, 9  ft. 

Width , 36  in. 

^  Materia^,  clay  and  gravel  that  held  up  well. 

'  Bemarks:  '  Shovel  idle  while  trench  was  being  sheeted.^ 
Ourve  also  caused  idleness. 

Performance    SO  cu.  yd.  '  ' 

Unit  cost,   cu.   yd. 22.6  ct. 

Daily  Cost  of  Operation 

1  runner    : %  5.00 

1  fireman     : 2.31  ■ 

1  laborer    1.75 

1  laborer ■..,..  1.65 

Supplies .: , 4.50 

Interest  and   depreciation,    17%%   on  $4,500    (approx.), 

based  on  200  working  days  per  year  4.00 

Total    $19.21 

$19.21  X  565/600  =  $18.10 ;   $18.10/80  =  22.6  ct.  per  cu.  yd. 

Process  Analysis     , 

Per  cent. 

Actual   digging 35.8 

Delays :    A  —  Sheeting  trench  before  moving  up    32.6 

B  —  Moving   up , , , 15.9 

C  —  Delay  due  to  curve   ,. 15.7 

100.0 

,As,a  comparison  with  these  results  the  work  of  another  shovel 
on  a  straight' trench  in  Chicago  is  given,  showing  that  a  steam 
shovel  will  do  cheap  excavation  in  trench'  if  the  section  is  large 
enough  and  the  working  conditions  such  as  to  warrant  its  use. 
The  conclusion  is  drawn  that  steam  shovels  are  not  suitable  on 
curved  trenches. 
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TABLE   II  — DATA   ON   70-TON    SHOYEL  AND    PROCESS   ANALYSIS 
OF  ONE-DAY  PERFORMANCE 

Kind  of  shovel    70-ton 

Capacity  of   dipper    2  yd. 

Average  length  of  move  15  ft! 

Number,  of   moves    4 

Average  time  to  move  up   ;....,.....  33%  min 

Working  time ; . , 602  min. 

Cut 26  ft. 

Width 16  ft. 

Material:  first  10  ft.  top  soil;  next  16  ft.  glacial  drift. 

Performance    ' 569  cu.  yd. 

Unit  cost,  cu.  yd.   ; 6.7  ct. 

Cost  of  Operation 

1  runner    , $5.00 

1  i:raneman    3.60 

1  fireman 2J0 

7  Tollermen     10.5Q 

Supplies     ■ 9.00* 

Interest  and  depreciation  at  VlW/o  on  $9,000  (approx.), 

based  on  200  working  days 8.00 

Total      $38.10 

Unit  cost  per  cu.  yd.  =  38.10/669  =  6.7  ct. 

Process  Analysis 

Per  cent. 

Actual   digging    44.9 

Delays:    A  —  Waiting  on  sheeters    8.4 

;.  .       B  —  Moving   lip    22.4 

C  — Waiting  on   cars 23.2 

D  —  Miscellaneous 1.1 

Total 100.0 

Trenching  with  Special  Hachines.  The  following  machines  are 
included  under  this  heading: 

Gableioays  and  overhead  or  tram  conveyors  especially  adapted 
to  trench  work.     These  machines  do  not  excavate    (unless  used 
in  connection  with  a  grab  bucket)   but  convey  the  excavated  ma- 
-  terial.  ,    i         , 

Trenching  Maoh^vnes.  which  excavate  by  means  of  buckets  mov- 
ing in:  tjie  line  of  the  trench.  Excavators  in  which  the  buckets 
move  across  the  line  of  the  trench  are  used  for  open  ditches  and 
will  be  described  in  the  following  chapter.. 

Overhead  Conveyors.  From  this  class  of  "machines  I  exclude 
derricks,  land  dredges,  travelling  cranes,  travelling  trench  exca- 
vators, and  similar  machines,  which  excavate  as  well  as  remove 
the  material  from  the  trench.  CalDleways,  however,  are  included, 
even  though  a  grab-bucket  may  be  operated.  In  general  overhead 
conveyors  are  those  that  do  not  actually  excavate  the  soil,  but 
convey  it  as  well  as  the  materials  for  the  structure  to  be  built  in 
the  trench. 

Trifnch  Cahleways.     One  of  the  best  known  trench  cableways  is 
the  Carson-Lidgerwood.     For  work  in  trenches  over  8  or   10  ft. 
wide  this  machine  possesses  many  advantages. 
The  main  cable  is  stretched  between  towers  30  ft.  high,  which 
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stand  300  ft.  apart,  and  one  tub  is  handled'  at  a  time.  -  This  tub, 
holding  one  cubic  yard,  can  be  hoisted  or  lowered  at  any  point 
between  towers,  and  when  empty  can  be  swung  to  one  side  so  as  to 
accomniodate  a  trench  30  ft.  wide.  It  is  often  an  advantage  to 
have  no  part  of  the  machine  carried  by  the  trench  banks,  since  in 
soft  ground  banks  may  settle,  and  in  rock  they  may  be  blown  out. 
Under  the  cable  there  is  no  limit  to  the  amount  of  waste  or  aui- 
plus  material  which  may  be  stored  over  the  completed  work, 
there  being  no  tracks  to  keep  clear  in  order  that  the  machine 
may  be  moved  ahead.  The  hoisting  engine  and  one  tower  stand 
upon  a  car  which  runs  on  a  tee-rail  track,  but  this  is  always  on 
solid  ground  and  ahead-  of  the  work,  and  the  rails  are  taken  up 
behind  as  it  is  moved  forward.  The  rear  tower  stands  on  the 
ground  and  is  taken  down  and  carried  to  its  new  position  when  a 
move  is  necessary.  The  capacity  of  this .  machine  may  run  as 
high  as  350  cu.  yd.  per  10-hr.  day,  but  for  various  reasons  this 
capacity  is  seldom  realized  continuously.  This  complete  outfit 
can  be  loaded  upon  one  car,  and  weighs  about  19  tons^ 

The  price,  in  1916,  of  a  machine  of  300-ft.  span  is  $3,250,  arid 
one  of  400-ft.  span  is  $3,500.  These  prices  include  the  services 
of  an  erector.  These  machines  may  be  rented  for  $200  and  $225 
per  mdnth  for  the  300  and  400-ft.  span  machines  respectively,  plus 
the  cost  of  freight,  plus  the  wages  of  an  erector  at  $4  per  day.  * 

Cableways  are  advantageous  where  the  trench  is  very  deep  or 
more  than  15  ot  30  ft.  wide,  or  where  quicksand,  or  rock  requir- 
ing blasting  is  encountered. 

A  Cableway  on  Sewer  Work  at  Washington.  From  a  report 
made  by  Frank  P.  David,  published  in  the  catalogue  of  the  Car- 
son .Trench  Machine  Company,  I  have  abstracted  the  following 
relative  to  the  construction  of  the  Easby's  Point  Sewer.  The 
first  1,200  ft.  of  this  sewer  wa's  in  a  cut  from  12  tb  40  ft.  deep 
with  10  ft.  of  clay  and  rotten  rook  on  top  of  solid  rock.  The 
blasting  required  heavy  breaking,  and  in  spite  of  careful  work 
large_  masses  outside  the  regular  cross  section  slid  into  the  ex- 
cavation increasing  the  normal  width  of  the  trench  from  18  to  as 
much  as  50  ft.  in  places.^  After  excavating  about  1,000  ft.  of 
trench  with  steam  derricks,  a  Carson-Lidgerwood  cableway  was 
installed.  This  cableway  had  a  span  between  the  end-frames  of 
300  ft.  it  was  driven  by  an  81,4  by  10-in.  engine.  The  hoisting 
speed,  was  250  ft.  per  min.,  and  the  conveying  speed  400  ft.  per 
min.  The  buckets  had  a  capacity  of  1  cu.  yd.  each.  The  width 
of  the  trench  was  18  ft. 

The  material  was  cemented  gravel  and  rotteii  rock.  Wages 
were  35  ct.  per  hr.  In  an  average  8-hr.  day  280  cu.  yd.  were 
excavated.     The  operation  expenses  per  day  were  as  follows: 
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1  engineman    ' -■ '  ^-^ 

1  fireman '• ^-^ 

1  signal   man lU" 

2  dump    men    ..,.i ; ' f-;/" 

Coal,  oil,  waste   ■•■ x- ^-^0 

Interest  and  depreciation   (estimated)    ".00 

Total  daily   machine  cost   $14.75 

Cost  of  picking  and  shoveling,  30  men  at  $1 30.00 

Total  daily  cost    .t $«.75 

The  cost  of  picking,  loading  tubs,  hoistiijg  from  trench  15  ft. 
deep,  conveying  150  ft.  and  dumping  into  wagons  was  lU  ct.  per 
.cu.  yd.     Hoisting,  conveying  and  dumping  cost  5.3  ct.  per  cu.  yd. 

The  Carson  Trench  Machine.  -  This  tram  conveyor  is  especially 
adapted  to  trenches  over  8  ft.  deep  and  from  3  to  15  ft.  wide. 
It  consists  of  a  rail  supported  on  A-frames,  carrying  4  to  8 
tubs  or  buckets  (each  holding  y-,  cu.  yd.)  at  a  time.  The  legs  of 
the  A-frames  or  bents  are  provided  with  wheels  that  travel  on  a 
track,  Fig.  12.  Tho  entire"  apparatus  may  be  pulled  ahead  to  a 
new  position  by  its  own  engine.  The  prices  of  these  machines 
ranged  from  about  $3,000  to  $3,500  in  1916,  and  they  rented  for 
approximately  $200  per  month. 

Cost  with  a'  Carson  Machine.  Engineering  and  Contracting, 
Apr.  2,  1918,  gives  the  following  by  A.  ,W.  Peters. 

The  work  was  a  deep  trench  at  Moundsville,  W.  Va. 

The  soil  consisted  of  fine  sand  mixed  with  loam  and  unstratifled 
yellow  clay.  In  the  shallow  trenches  this  material  could  be  ex- 
cavated for  a  depth  of  8  ft.,  and  the  ditch  left  open  for  several 
days  in  ordinary  weather  without  endangering  the  banks,  al- 
though in  general  verticals  and  trench  braces  were  used.  When 
the  contractor  opened  up  his  deep,  ditches  in  this  material  he 
decided  to  use  8-ft.  lengths  of  sheeting,  placed  without  driving,  in 
the  excavated  8-ft.  depth.  In  this  way  a  section  of  trench  8  ft. 
deep  would  be  excavated  and  the  sheeting  placed ;  then  the  next 
lower  8  ft.  of  material  would  be  removed,  and  the  second  set  of 
sheeting  placed  with  its  top  butting  up  against  the  bottom  of 
the  upper  section,  the  banks  being  carried  down  approximately 
plumb.  In  backfilling,  8  ft.  of  sheeting  would  be  knocked  out 
and  the  trench  filled,  the  material  being  tamped  against  the  trench 
side  wall  and  not  against  the  sheeting,  as  is  ordinarily  neces- 
sary. 

Of  course  these  conditions  are  particularly  favorable  to  low 
sheeting  costs,  and  all  that  that  means  in  deep  trench  work, 
so  that  the  results  as  derived  in.  Table  II  should  be  considered 
in  that  light.  ' 

The  material  in  these  two  sections  was  usually  picked  before 
shoveling  into  the  buckets,  as  it  could  be  handled  more  rapidly 
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in  that  way.  The  general  progress  of  the  truck  work  seemed  to 
be  fairly  good.  The  buckets  were  loaded  rapidly,  the  best  men 
being  placed  at  this  work.  The  machine  was  handled  efficiently 
and  the  buckets  were  {"un  back  and  forth  at  a  fairly  high  speed. 

Regarding  the  items  of  which  the  total  cost  is  comprised  a  few 
explanations  will  be  given: 

The  first  3  or  4  ft.  of  excavation  were  thrown  upon  the  bank 
and  not  loaded  into  buckets.  For  the  remaining  depth  two  men 
shovelled  into  each  bucket,  usually  loosening  the  material  before 
shovelling. 

The  sub-heading  "moving"  under  "machine"  is  made  up  prin- 
cipally of  the  cost  of  moving  the  machine  along  the  ditch,  which 
required  tracklaying,  anchorages  and  hitches  ahead. 

Coal  cost  5  ct.  a  bushel  at  the  mines  nearby,  or  7  ct.  delivered. 

Sheeting  was  2  in.  thick.^  Stringers  were  4  x  6  in.  in  size.  The 
cost  includes  placing,  removal,  and  depreciation. 

The  tamping  gang  consisted  of  one  shoveller  and  five  pampers. 
The  tamper  was  a  piece  of  4  x  6-in.  timber,  about  2  ft.  long,  with 

TABLE   I  —  QUANTITIES   ON   SECTIONS   1  AND  2 

Section  1  •                   Section  2 

Length     296  ft.  615  ft. 

Deptli     31  ft.  14-30  ft.,  average  22.1  ft. 

Total    excavation. .;... 1,529  cu.  yd.  2,526  cu.  yd. 

Excavation  per  lin.  ft 5.2  cu.  yd.  4.1  cu.  yd. 

Actual  machine  days....... 28  31 

Excavation  per  actual  machine 

day    .< 55.CU.  yd.  82  cu.  yd. 

Cu.  yd.  per  man  day 4.6  6.8 

TABLE   II  — COSTS   ON   SECTION   NO.  1,    UNIFORM  DEPTH 

Item  Cost 

Cost  bucket  loading,  1,529  cu.  yd i   559.80 

Machine  moving    $     13.96 

Machine  engineer   80.40 

Machine  signal    52.60 

Machine  coal 18.00 

Machine  rental    300.00 

Cost,    conveying    ,. $   464.96 

Sheeting     ..'. '^^l %   231.42 

Tamping     97  06 

Teams    40.50 

Pavement    removal    .- 15.12 

Pavement    replacement    "41.20 

Superintendent     .■.^. 138.46 

Cost,    miscellaneous    $    663.75 

Grand    total    $1,588.51 

This   gives   a    total   cost   of   $5.36   per   lin.   ft.    or   $1.03   per 
cu.  yd. 
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an  old  shovel  handle  set  in  one  end.  Better  results  were  secured 
with  these  wooden  tampers  than  with  iron  ones. 

Teams  were  principally  engaged  in  removing  surplus  dirt  and  in 
evening  up  inequalities  in  trench  depths. 

The  item  of  pavement  includes  much  new  6-in.  gravel  base  and 
many  new  brick. 

The  wages  varied  from  $1.85  to  $2.00j  about  70%  of  the  men 
getting  $1.85. 

It  is  commonly  considered  that  the  cost  of  operating  a  trench 
machine  is  substantially  a  constant  amount  per  cubic  yard  of 
material  moved,  in  a  given  kind  of  soil,  regardless  of  variation 
between  rather  widely  separated  limits  in  depth  of  trench;  The 
costs  obtained  from  the  Moundsville  work  indicate  that  cost 
varies  with  depth  of  trench.  For  the  shallower  trench  from  14 
to  30  ft.  deep,  the  sum  of  the  bucket  loading  and  conveying  costs 
was  52  ct.  per  cu.  yd.  For  the  trench  of  a  uniform  depth  of  31 
ft.  the  corresponding  cost  was  66  ct.  per  cubic  yard.  It  may  also 
be  noted  that  the  yardages  handled  per  man  per  day  were  for  the 
two  trenches  respectively  6.8  cu.  yd.  and  4.6  cu.  yd.  No  other  cost 
records  that  we  have  of  trench  machine  work  touch  upon  exactly 
this  feature,  and  the  present  instance  is  thenefore  worthy  of  notice. 

TABLE   III  — COSTS  ON   SECTION  NO.  'i,   VARIABLE  DEPTH 

Item  Cost 

Cost  bucket  loading,  2,526  cu.  yd %   639.89 

Machine  moving %     62.56 

Machine    engineer  ' 100.33 

Machine    signal    58.25 

Machine    coal    10,20 

Machine   rental    416.00 

Cost,   conveying   %   647.34 

Sheeting     *   1".06 

Tamping     1«.12 

Teams    1»5.^5 

Pavement    removal    5^.42 

Pavement   replacement    itcio 

Superintendent     < ub.W 

Cost,    miscellaneous    %   730.04 

Grand    total $2,017.27 

This  gives   a   total   cost  of  $3.27   per   lin.   ft.   or   $0.81   per 
cu.  yd. 

The  Potter  Hoister  and  Conveyor  Trenching  Machine.  This 
machine  is  illustrated  in  Fig.  13.  It  is  constructed  entirely  of 
steel  and  is  readily  taken  apart  for  shipment.  It  consists  of  a 
trestle  of  two  longitlidinal  I-beams  supported  on  bents  spaced, 
as  a  rule,  16  ft.  apart.     These  bents  are  mounted  on  wheels  run- 
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ning  on  rails  on  each  bank  of  the  trench.  A  carriage  travelling 
on  the  I-beam  tracks  has  sheaves  over  which  runs  the  bucket 
hoisting  rope.  A  double  cylinder,  7  x  10-in.,  double  friction'  drum 
engine  is  located  at  one  end  of  the  trestle.  Two  men  ride  on 
the  carriage  to  handle  the  buckets.  Buckets  loaded  by  hand  are 
lifted  frdni  the  trench  by  the  machine  and  carried  back  and 
dumped  on  the  completed  sewer. 

Three  sizes  of  this  machine  are  in  common  use: 

Improved  Standard         Special 

4-bucket  "   2-bucket  16-fit  span 

'     '  "hoi^ter  and  hoister  and  bolster  and 

,  i                   ,  i  1 '        ;  conveyor  conveyor         conveyor 

Buckpt  capacity  cu.  yd.    %  or  .1  %  ot  %,  % 

Track   gage    8  ft.  5  ft.  5.75  in.         8  ft. 

Bottom   gage    ...i 10.6  ft.    i  10.6  ft.  16  ft. 

The  improved  4-bucket  machine  has  a  standard  equipment  of 
17  bents  pr  sections  of  trestle  16  ft.  long,  giving  a  length  of  tres- 
tle of  272  ft.,  and  a  total  length  of  290  fti^  The  equipment  in- 
cludes sixteen  %-cu.  yd.  buckets,  a  20-hp.  engine,  700  ft.  of  T-rail,, 
cables,  and  complete  fittings.  The  price  is  $4,500  (1916).  The 
capacity  of  the  machine  is  four  loaded  buckets  handled  at  one 
time. 

Excavation  with  Potter  Uachine  at  Brooklyn,  N.  Y.  Engi- 
neering News,  July  9,  1914,  gives  the  following: 
.  In  the  construction  of  a  15-ft.  sewer  in  the  Borough  of  Brook- 
lyn, New  York  City,  during  1914,  a  Potter  trenching  maphine 
was  used.  The  excavation  was  mainly  in  sand,  and  the  earth  was 
excavated  by  haiid  and  raised  in  buckets,  12  of  which  were  con- 
stantly in  use.  Two  buckets  were  run  back  on  the  track  and 
dumped  into  a  hand-pushed  :2-cu.  yd.  tip  car,  running  ,on  a  nar- 
row gage  track  laid  on  the  plankedroyer  trench  bracing  of ;  the 
trench  and  backfill.  The  cars  were  handled  and  dumped  by  two 
men.  The  excavation  amounted  to  about  30  cu.  yd.  per  lin.  ft. 
of  trench.  The  machine  handled  about  250  cu.  yd.  per  day  of  8 
hr.,  making  a  progress  of  8  ft.  of  sewer  per  day,  with  a  force  of 
about  60  men.  For  the  foregoing  I  am  indebted  to  Engineering 
News,  July  9,  1914.  ,  i    : 

Cost  with  Potter  Machine  at  Chicago.  Engineering  and  Con- 
tracting, April,  1906',  gives  the  following: 

•  Certain  sections  of  an  Intercepting  sewer  were  built  by  day 
labor  in  Chicago,  during  1901-1903.  A  Potter,  trench  machine 
370  ft.  long  was  used.  An  ordinary  double  drum  hoistingi  engine 
was  placed  at  the  front  end  of  the  machine.  By  means  of  two 
cables  and  a  series  of  drum  sheaves,  the  engine  hoisted  the  bucket 
and  moved  the,  carrier  along  the  trackway  as  required.  The  en- 
tile machine,  including  the  engine,  was  supported  on  track  on 
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each  side  of  the  trench.  After  the  track  was  built,  5  min.  was 
ample  time  in  which  to  move  the  whole  machine  48  ft,,  that 
amount  of  trench  being  worked  at  a  time.  The  Potter  trench 
machine  was  used  to  remove  the  clay  and  about  2  ft.  of  overlying 
sand. 

In  the  excavation  six  %-yd.  buckets  were  used,  four  in  the 
trench  and  two  on  the  carrier.  Two  empty  buckets  were  placed 
in  adjoining  sections  and  two  full  ones  removed  on  each  trip. 
The  trench  machine  crew  consisted  of  the  following:  One  hoist- 
ing engineman,  one  fireman,  and  two  carrier  men.  The  number 
of  bottom  men  or  diggers  ranged  from  17  to  21,  depending  on 
the  kind  and  amount  of  excavation.  In  addition,  the  track  sup- 
porting the  machine  was  built  by  a  gang  of  timber  men,  whose 
other  duties  were  the  removar  of  braces,  and  miscellaneous  work. 

The  rates  of  wages  of  the  trench  machine  crew  were  as  fol- 
lows':      '    " 

1  foreman   at  $4.00    .^...., ?  4-00 

2  enginemen  at  |4iS0 9.60 

1  fireman  at  $2.75 2.75 

2  carrier  men  at'  $3.75  7.50 

17  bottom  men  at  $3.26  ...L 55.25 

Total  daily  labor   $78.10 

One  ton  of  ooEil,  costing  $2.90,  per  day  was  used;  adding  this 
to  the  total  labor  cost  and  we  get  $81.  About  190  cu.  ydw  were 
excavated  each  day,  so  the  cost,  per  cu.  yd.,  was  40.2  ct.  per  cu. 
yd.,  exclusive  of  plant  rental,  and  cost  of  laying  track. 

Cost  -with  Potter  Machine  at  South  Bend,  Ind.  Engineering 
and  Contracting,  Jan.  29,  1908,  gives  the  following: 

During  1906,  according  to  W.  A.  Morris,  2,444  lin.  ft.  of  5.5 
and  6-ft.  diameter  sewer  was  built  in  South  Bend,  Ind. 

The  ground  was  flat  and  marshy,  the  material  being  loose  black 
soil  to  a  depth  of  about  4  ft.,  with  sand  and  gravel  in  the  re- 
maining depth.  The  last  4  OT  5  ft.  was  water  soaked.  The  trench 
was  10.5  ft.  wide  and  of  18  ft.  average  depth.  The  first  2  or  3 
ft.  was  excavated  by  hand  shovels  or  with  plows  and  scrapers. 
The  remaining  excavation  was  mainly  done  with  a  Potter  trench 
machine.,  which  also  handled  the  concrete. 

This  machine  was  270-  ft.  long.  About  200  ft.  of  trench  was 
kept  open  at  one  time,  the  excavated  material  beiirg  used  for 
backfilling.  A  sub-drain  pipe  was  laid  30  in.  beneath  the  grade 
of  the  sewer  invert.  The  water  entering  this  drain  was  collected 
in  a  sump,  and  then  pumped  out  with  a  6-in.  rotary  pump. 

The  wages  paid  per  day  vs'ere  as  follows: 

Englueman  on  trench  machine    $3.00 

Fireman  on  trench  machine   1.65 

Engineman  for  pumping 2.00 
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Fireman    ; ^2.50 

Cari)enter     2.50 

Laborers 1.85 

.  ,   Tte  cost  .of  excavation  and  drainage  was : 

Per  ou.  yd. 

Pipe  far  sub-drain $0,047 

I/ftbor  laying  this  pipe 0,050 

Pimping    water    Q.065 

.Excavation  and  backfilling    0.400 

Setting  and  pulling  shoring   , 0.150 

Allowance  for  tools  and  general  expense   ........ . .  0.035 

$0,747 

There  were  7  cu.  yd.  per  lin.  ft.,  so  the  total  cost  per  lin.  ft. 
was  $5.22. 

Cost  of /^Excavating  a  Sewer  with  a  Derrick  and  a  Potter  Ma- 
chine. Engineering  and  Contraeting,  Oct.  9,  1907,  gives  the  fol- 
lowing: 

Excavation  for  the  Lawrence  Ave.  Sewer,  Chicago,  111.,  was 
performed  with  a  derrick  and  a  Potter  trenching  machine.  The 
trench  was  21  ft.  wide  and  an  average  depth  of  30.5  ft.  The, 
materials  consisted  of  a  top  layer  of  black  soil,  15  ft.  of  soft  blue 
clay,  6  to  8  ft.  of  stiff  blue  clay,  1  ft.  of  sandy  loam,  and,  last, 
about  2  ft.  of  hard  blue  clay  that  sometimes  required  to  be 
blasted. 

The  first  16  to  18  ft.  of  excavation  was  done  with  the  aid  of 
skips  and  a  derrick  having  a  Soft,  boom  and  equipped  with  a 
7  X  10  double  drum  hoisting  engine.  The  derrick  was  so  arranged 
that  the  boom  could  swing  in  a  half  circle  on  either  side  of  the 
trench.  The  framework  carrying  the  turntables  spanning  the 
trench  rested  on  shoe  timbers,  thage  in  turn  resting  on  rollers. 
A  runway  was  built  ahead  of  these  rollers,  and  the  derrick  was 
pulled  ahead  by  means  of  ropes,  wound  round  the.  nigger,  head 
of  the  engine  and  single  and  double  blocks.  The  skips,  of  1  cu. 
yd.  capacity,  were  filled  by  hand  shoveling,  lifted  by  the  derrick 
and  swung  to  one  side  of  the  trench,  the  spoil  being  used  for 
filling  low  places,  or  later  for  completing  the  backfilling.  As 
the  excavation  proceeded  2-in.  plank  sheeting '  was  placed  and 
carried  down  to  a  depth  of  about  14  ft.,  8  x  10-in.  timber  spaced 
20  ft.  centers  being  used  for  bracing. 

A  Potter  trench  machine  followed  the  derrick  and  skips,  and 
was  used  in  carrying  down  the  e:ieavation  to  the  required  depth. 
Six  i^-cu.  yd.  capacity  buckets  were  used  with  this  machine, 
four  buckets  in  the  trench  being  filled,  and  two  being  carried 
back  on  the  carriage  and  dumped  on  the  completed  brick  work. 
The  hardest  part  of  the  excavation  was  done  with  this  machine, 
the  clay  being  tenacious  and  coming  away  in  hard  lumps. 
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An  average  of  175  to  200  cu.  yd.  was  excavated  each  day  with 
this  machine. 

The  wages  per  8-hr.  day  and  number  of  men  employed  in  ex- 
cavating with  the  Potter  trenohiTig  machine  were  about  as  fol- 
lows; 

Engineer,  $6.00 $6.00 

Fireman,  $2.50 ,2.50 

1  man   on  carriage,    $2.50 2.50 

1  man  on  carriage,  $3.25  3.25 

20  bottom  men,  $2.75  55.00 

1  man  on  dump,  $2.75  .  .■ 2;75 

Foreman,  $3.50    3.50 

Total  per  day  $76.50 


Fig.  14.     Model  "  C  "  Moore  Trjench  Machine  Co.,  Syracuse,  N.  Y. 

One-half  ton  of  coal  was  consumed  each  day  by  the  machine. 
Allowing  $2.50  for  this,  and  assuming  that  the  rent  of  the  ma- 
chine was  $125  per  month  ($4.80  per  day),  the  total  cost  per 
8-hr.  day  would  be  $82.80.  On  the  basis  that  175  cu.  yd.  of 
material  was  excavated  each  day  the  cost  would  be  about  47  ct. 
per  cu.  yd. 

The  Moore  Trench  Machine.  C.  N.  Saville,  in  Journal  of  New 
Englwnd  Water  Works  Association,  Vol.   17,  1903,  gives  the  fol- 
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lowing.  A  Moore  machine  waa  very  successfully  used  in  the,  con- 
struction of  a  section  of  48-in.  pipe  lines  of  tlie  Boston  water 
supply  in  1896-7.  With  this  machine  no  material  was  stored 
alongside  of  the  trench,  excepting  the  surfacing  of  the  roadway. 
The  material  from  the  head  of  the  trench  was  shoveled  into 
buckets  by  laborers,  hoisted  and  carried,  back  by  the  machine 
to  the  completed  pipe  and  there  dumped.  The  buckets  had  hinged 
bottoms  and  the  load  could  be  dumped  while  the  machine  waa  in 
motion,  or  lowered  to  the  bottom  of  the  trench.  In  laying  the 
pipes  with  this  machine  only  about  11  ft.  in  width  and  150  to  200 
ft.  in  length  of  roadway  was  occupied  at  one  time: 

This  machine  in  use  at  Syracuse,  N.  Y.,  is  illustrated  in  Fig. 
14.  The  apparatus  is  furnished  in  three  models  and  sold  for  from 
$2,800  to  $4,300  before  the  war. 

Trenching  with  a  Tram  Machine  at  Jackson,  Uich.  Engi- 
neering and  Contracting,  Nov.  10,  1909,  describes  sewer  work  at 
Jackson,  Mich.,  as  follows: 

Sewers,  .4  to  18  in.  in  diameter,  and  about  2  miles  long,  were 
laid  at  Jackson,  Mich.  The  soil  was  composed  mainly  of  sand 
and  gravel,  with  much  water  and  running  sand.  ^  The  sewers  were 
laid  at  depths  varying  from  7  to  25  ft.  Tight  sheeting  was  re- 
quired. 

Excavation  for  the  first  few  feet  was  made  with  horses  and 
scrapers.  In  trenches  8  ft.  or  less  in  depth  the  excavation  was 
completed  by  hand.  Sheeting  was  driven  by  hand  and  with- 
drawn with  the  aid  of  a  chain  block. 

In  deeper  trenches,  the  machine  shown  in  Fig.  15  (designed 
by  the  city  engineer,  A.  W.  D.  Hall)  was  used.  This  machine 
was  150  ft.  long,  and,  including  three  %-yd.  self-dumping  buckets, 
cost  $500.  The  traveller  was  operated  by  a  double  drum  hoist, 
one  drum  hoisting  the  buckets  and  the  other  giving  them  a  lat- 
eral movement.  The  excavated  material  was  conveyed  to  the 
rear  and  used  for  backfilling. 

The  water  was  removed  by  means  of  an  ejector.  The  force 
pipe  of  an  ejector,  shown  in  Fig.  16,  was  attached  to  the  nearest 
hydrant,  which  gaVe  a  pressure  of  about  .60  lb.  The  discharge 
pipe  passed  over  a;  bulkhead  into  the  completed  sewer. 

The  sewer  pipe  waa  laid  with  aid  of  the  machine.  Where  run- 
ning sand  or  quicksand  was  encountered  the  special  shield  shown 
in  Fig.  17  was  employed.  This  shield  consisted  of  three  sides  of 
a  bottomless  box.  When  near  the  grade  the  Shield  was  set  on 
the  trench  bottom  with  its  open  end  straddling  the  completed  pipe. 
Hay  was  then  stufled  into  the  spaces  between  the  sides  of  the  pipe 
and  the  sides  of  the  shield  in  order  to  keep  out  the  muck.  Two 
men  inside  the  shield  excavated  to  grade,  driving  the  shield  down 
as  they  progressed. 
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When  excavation  was  completed  the  pipe  was  laid  and  jointed 
inside  the  shield,  which  acted  as  a  temporary  cofferdajn. 

The  costs  of  work  at  depths  up  to  10  ft.  varied  widely.  The 
cost  of  excavating  42-in.  sewer  from  17  to  20  ft.  deep,  was  53  ct. 
per  cu.  yd.     At  a  depth  of  26  ft.  the  cost  was  75  ct.  per  cu.  yd. 


Fig.  16.     Ejector  and  Method  of  Pumping  Water  from  Sewer 
Trench. 


These  costs  include  excavation,  backfilling,  sheeting,  pulling  and 
driving,  pipe  laying,  and  cleaning  up  and  grading  the  street  after 
the  work.  They  include  everything  except  cost  t)f  pipe  and  cost 
of  sheeting  timber  and,  apparently,  plant  and  overhead  charges. 
The  gang  worked  consists  of  30  men;  common  labor  is  paid  $2 


_ U  !"■ 

— Nw  "  *  ' 

^\J :  J 


Fig.  17.     Steel  Plate  Shield  Employed  in  Laying  Sewer  Pipe  in 
Quicksand. 

to  $2.25  per  day,  enginemen  $3  per  day  and  foremen''$5  per  day. 
The  -work  is  being  done  wholly  by  day  labor. 

The  Parsons  Trench  Excavator.  This  machine  has  a  series  of 
scrapers  and  cutting  teeth  fastened  on  an  endless  belt  travelling 
around  a  ladder.     These ,  buckets  and  scrapers  are  self -cleaning 
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and  deliver  the  excavated  earth  to  a  belt  conveyor  that  carries 
the  matierial  to  one  side  of  the  trench.  These  machines  are  made 
in  two  different  models,  and  in  two  types  of  each  model. 

Models  K  and  K-0  are  illustrated  in  Fig.  18,  In  the  K  ma- 
chine the  buckets  travel  automatically  back  and  forth  across  the 
trench,  thus  cutting  arty  width  of  trench  between  22  and  42  in. 
without  changing  the  size  of  the  buckets.  The  model  K-0  is  a 
very  strong  machine. 


Fig.   18.     Design  of  Parsons  Excavators,  Models  K-0  and  K. 

The  daily  cost  of  operating  a  $5,600  machine  is  estimated  by 
the  manufacturers  as  follows,  based  on  a  10-hr.  working  day 
an4  200  working  days  per  year. 


Engineman    %  4.00 

Fuel     .....; 6.00 

Oil  and  waste   1.00 

Repairs,    5%    1.40 

Interest,    6% 1.70 

Depreciation,   15%   4.25 

Total $18.35 


The  E  and  F  machines  are  equipped  with  the  oscillating  de- 
vice enabling  widths  of ,  trcmch  from  28  to  60  or  72  in.  to  be 
cut  without  changing  the  size  of  buckets;  The  advantages  of 
these  machines  are  their  adaptibility  to  all  .sizes  of  work,  their 
rugged  construction,  short  length,  variety  of  digging  speeds,  and, 
in  particular,  their  almost  vertical  digging  boom  that  enables 
sheeting  to  be  placed  within  4  ft.  of  the  rear  of  the  machine, 

Steam  driven  machines  require  1,200  tq  2,000  lb.  of  coal  per 
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10  hr. .  The;  first  cost  of  machines  is  approximately  $270  to  $300 
per  ton  of  weight,,,  Thepe  machines  are  made  by  The  Parsons  Co., 
Newton,  Iowa.  , 

.  C.ost  of  Work,  with,  Parsons  Excavator.  W.  G.  Kirchoffer,  in 
Engineering  and  Contracting,  Apr.  10,  1912,  gives  the  following 
relative   to   the ,  work   of   a   Parsons   trench   excavator,  in    sand, 


Fig.    19.     Design  of  Parsons  Excavators,  Models   E   and  F. 


gravel  and  clay.  The  trench  was  5,270-  ft.  long  and  was  dug  for 
an  8-in.'  sewer  at  West  Salem,  Wis.  The  trench  averaged  about 
si  ft;  deep.  The  total  number  of  days'  work  put  in  on  the  job 
was  326,  or  an  average  of  61.8  days  per  1,000  ft.  of  sewer! 

The  treiiching  machine  was  operated  20  days  out  of  the  total 
26  put  in  upon'  the  work,  or  an  average  of  263%  ft.  per  day.  The 
least  distance  made  in  a  day  was  20  ft.  and  the  maximum  dis- 
tance of   350   ft.   of   completed   sewer.     There  were   five   days   in 
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wHich  the  rate  exceeded  400  ft.  of  sewer  per  day.     The  progress 
diagram  is  febowri  in  Pig.  21. 

The  labor  put  in  upon  the  work  was  divided  as  follows  in  days 
per  1,000  ft.  of  sewer: 

Contractor •■ .,; i..'.   li092:M  :;•_,; -■ 

Inspector 4.935 

Pipe   layer    4.315 

roremail    ...'........'. , : '...'..:....  ^  4.270K 

'    '  Enginenian     : ,' ; . i 4.79 

rireman     .... r..-. 4.412 

Team     3.417 

Mason     ^..^ 3.75 

Water   boy    .-...., 1.993 

r        Common  labor i .  — 26.04  ■ 

,  Taniiper    .^..■;■^vi:....: :...;. r  -'4,13  f «     • 


Fig.  20.     Parsons  Excavator  Model  P  Equipped  with  Backfiller. 


The  greatest  number  of  men  employed  in  any  one  day  was  16 
and  the  smallest  number  was  two.  A  man  who  was  killed  upon 
the  work  came  in  contact  with  some  high  tension  wires  In  at- 
tempting to  lift  them  over  the  excavator  with  a  common;  broom 
stick  wlien  they  were  moving  from  one  street  to  another. 

P.  &  H.  Trench.  Excavators.  These  are  of  two  types :  The 
wheel-type  in  which  the  excavating  buckets  are  fastened  to  the 
rim  of  a  wheel,  and  the  ladder  type  in  which  the  excavating 
buckets  are  fastened  to  a  chain  belt  traveling  up  a  ladder.     The 
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principle  of  the  wheel-type  machine  is  illustrated  in  Fig.  22.  This 
type  of  machine  is  furnished  in  two  general  styles.  The  drainage 
type  machine  is  built  in  12  sizes,  ranging  from  the  No.  1  exca- 
vator capable  of  digging  trenches  11.5  in.  wide  and  7.5  ft.  deep> 
The  contractors  type  machine  ranges  froin  the  No.  13  capable  of 
digging  15  in.  wide  by  5.5  ft.  deep,  to  the  No.  36  machine  capable 


0.   10}   m   m  mo  im  im  mo  imi  im  m)  im  teoo  two  sm  sau 

Lengfliof  Sewer  Laid  m  feet 

Fig.  21.    Progress  Diagram  of  Sewer  Trenching  by  Machine  at 
West  Salem,  Wis. 

of  digging  54  in.  wide  by  12  ft.  deep.     The  ladder  type  excavator 
is  furnished  in  four  sizes:  as  follows: 

Depth  of  cut,  10  ft. ;  width  of  cut,  18,  24  and  30  in 
Depth  of  cut,  12  ft. ;  width  of  cut,  24,  30  and  36  in. 
Depth  of  cut,  15  ft. ;  width  of  cut,  24,  30  and  36  in. 
Depth  of  cut,  20  ft. ;  width  of  cut,  24,  30,  36,  48,  60,  and  72  in. 


These  machines  are  made  by  the  Pawling  and  Harnischfeger 
Co.  of  Milwaukee,  Wis. 

,  Cost  of  P.  &  H.  Uachlne  Trenching  for  Water  Uains.  Engi- 
neering and  Contracting,  May  8,  1918,  states  that  by  using  a 
trenching  machine  the  Water  Department  of  Erie,  Pa.,  has  over- 
come difficulties  incident  to  the  labor  shortage  and  at  the  same 
time  has  effected  a  large  saving  in  excavating  for  water  main  ex- 
tensions. A  report  on  the  work  of  the  machine,  furnished  by 
Mr.  E.  W.  Humphreys,  Superintendent  of  Waterworks,  shows  that 
it  has  dug  5%  and  6  ft.  deep  trepches  at  a  cost  as  low  as  0.9 
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ct.  per  lineal  foot.  This  particular  trench  was  dug  in  hard 
clay.  The  figure  covers  the  wages  of  operator  and  helper  and  the 
cost  of  gasoline,  oils  and  grease.  In  laying  10,000  ft.  of  6-in. 
main  in  1917  the  cost  of  hand  digging  alone  was  19  et.  per  lin. 
ft.,  with  common  labor  at  27:^  ct.  per  hour.  The  haiid  dug 
trench  was  in  clay  with  shale  at  the  bottom. 
The  accompanying  tabulation  shows  work  done  by  the  machine 


Fig.  22, 


Detail  of  Wheel  and  Method  of  Digging  Ditch,  P.  &  H. 
Trench  Excavator. 


at  Yarious  times  from  May  1,  1917,  to  Jan.  3,  1918.     The  width 
of  trench  was  2  ft.  ■ 

-,  I  Coat  per 

;  '  ''  '    lin.  ft. 

Eankin  Are'.  N.,  rtinniiig  sand  and  gravel  : ?0.065, 

Bankin  Ave.  S.,  hard  shale 036 

22d  'W.  Cranberry,  hard  clay 010 

28lh  W.  of  Sigsbee,  clam  loam  .010 

Cherry  N.  of  3Dth,  clay  and  gravel  .012  . 

,5th  W,  Jlaspberry,.  sandy   014 

'  27th  W.  Cascade,  hard  (ilay  ; ; .009' 

■  '     Old  French  Eoad,  hard  clay .009 


The  costs  given  in  this  table  are  the  actual  operative  rcoptSj 
exclusive  of  overheady  depreciation  and  rep9ii:a„  and  pay  of  i^a,t!:h- 
man.     The  costs  in  detail  for  three  of  the, jobs,, follow:        ;    , 
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Piankin  Ave,  N.   (l.PpO  lin.  ft.  trench,   5.?,, ft.  deep) 

,  ,       -     ,  .  Per  lin.  ft. 

Operator,  62  hr.  at  32%  ict ,,....,..    $0,0200,,      ; 

Helpers,  115  hr.  at  30  ct. 0345 

Gasoline,  39  gal.  at  2(4%  ct • ■••■        -0090,    ,.,    ,  , 

Oils,  4  qt.  at  9^4  ct 0004 

Grease,  2  lb.'  at  IM,  ct.   , , 0001 

,    ,  Total  ;(l,.OftO,  lin.  ft.)    j._.., ,^,,.,., , ,,$0.0640    ,,/, 

Rankin  Ave.  S.  (800  lin.  ft.  trench,  5.5  ft.  deep) 

Per  lin.  ft. 

Olperator,  26  hr.  at  35  ct $0.0114 

Helper,  38  hr.  at  28  ct .\0130 

,  Gasoline,  35  gal.  at  25  ct iP109 

Oils,  4  qt.  at  U%  ct »..= 0006 

Grease,  J.-  lb.  at  9  ct.  ..-.*« 0001 

Total  (SCO  lin.  ft.)   $0.0360 

28th  W.  of  Sigsbee  (652  lin.  ft.  trench,  6  ft.  deep) 

^" ■,  -  ■  Per  lin.  ft. 

,     fot)eratoy,:3  hr.  at  35T:t;  .....;v*" ?0002 

IJelperi  3  hr.  at  27  ct :.;'...: 002 

gasoline,  12  gal.  at  25  ct 005 

Oils,  4  qt.  at  11>^  ct.;  grease,  1  lb.  at  9  ct 001 

Total   (652  lin.  ft.) , $0,010 

The  cost^  on  the  last  six  jobs  represent  the  actual  time  the 
machini  was  engaged  in  trenching.  On  the  old  French  Boad 
work  230  lin.  ft.  of  trencli  was  excavated  in  one  hour,  while  in 
the  27th  St.  work  210  ft.  of- trench  was  dug  in  one  hour.  A  sum- 
mary of  the  operating  costs  on  the  six  jobs  shows  the  following: 

6  jobs  trenching  (2,727  lin  ft.,  5.8  ft.  deep) 
i:    V,      \      :    :;■.:    ■  •,]■■-  ;<■,,■.  ,     '       ■•  Per  lin. ft. 

Operator,  15  hr.  at  39  ct $0.0021 

Helper,  15  hr.  at  31%  ct 0017 

Gasoline,  61  gal.  at  25.1  ct 0060 

Oils,  13  qt.  at  11  ct 0005 

'     ■'•      GWfease,  5  Ib.l  at:6^4t  ct 0001     .,      , 

Total  (2,727  lin,  ft.)    •$0.0104^ 

The  .trenching  machine,  a  Pawling  &  Harnischfeger,  was  pur- 
chased by  the  Water  Department  early  in  1917  at  a  cost  of 
$5,650  .f.o.  b.  Erie. 

Cost  with  a  F.  &  H.  Trench  Excavator  at  Erie,  Penn.  En- 
gineering News-Record,  Feb.  14,  1918,  gi^ves  the  following: 

Four  miles  of  6-  and  12-in.  water-main  trenches  in  Mvooded  or 
frozen  ground  and  with  shale  at  the  bottom  were  completed  with 
a  machine  by  the  Water  Department  of  Erie,  Penn.,  between 
Feb.  1  and  Oct.  5,  1917,  at  a  cost  far  below  that  of  hand  work, 
even  in  1915.  Though  at  the  speed  developed  by  the  machine, 
3  to  3%  ft.' pfer  min.  on  5%-  and  6-ft.  deep  trenches,,  this  repre- 
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gfents  less  than  two  weeks'  steady  work,  the  difference  in  the 
amount  paid  for  hand  labor  per  foot  in  1916  and  in  the  cost  per 
foot  of  all  labor  and'fuel  required  with  the  machine  represents 
more  than  half  the  first  cost  of  the  tool  saved  on  the  four  miles 
already  completed.  It  is  doubtful  if  the  extensions  built  in  1917, 
representing  more  wcfrk  than  was  done  in  either  of  the  preced- 
ing years,  could  have  been  completed  without  the  machine  because 
of  the  scarcity  of  labor. 

Ihe  trenching  machine,  a  .Pawling  &  Harnischfeger,  bought 
early  this  year  for  $5,650  f.o.b.  Erie;  is  of  the  wheel  type.  The 
buckets  are  adjustable  for  cutting  lli^'  to  54  in.  wide  and  trenches 
4],^  to  12  ft.  deep  can  be  dug.  The  machine  is  driven  by  a  four- 
cylinder,  four-cycle,  4()-hp.,  gasoline  engine.  Ordinarily,  one  op- 
erator and  one  helper  run  it  without  other  assistapce  under  the 
supervision  of  the  foreman  who  looks  after  the  rest  of  the  work. 
The  trenches  cut  are  2  ft.  in  width  and  from  51^  to  6  ft.  in  depth. 
Clay  2  to  4  ft.' deep,  underlain  by  shale,  is  encountered  on  nearly 
all  the  work,  though  one  trench  has  been  dug  in  running  gravel. 
Conditions  are'  such  that  the  machine  cuts  full  length  for  the  ex- 
tension to  be  laid  in  a  continuous  operation,  most  of  the  trenches 
being  less  than  2,000  ft.  long.  The  pipe  gang  of  7  men  lays  the 
new  main  behind  it  at  the  rate  of  a  block,  or  660  ft.,  a  day. 
As  the  water  mains  are  always  extended  in  advance  of  paving, 
operations  are  completed  by  backfilling  the  trench  with  a  team  and 
scraper.  In  this  manner  1)^  miles  of  12-in.  and  21^  miles  o^  6-in. 
pipe  were  laid  between  Feb.  1  and  Oct.  5. 

During  1915,  considered  an  ordinary  year,  the  city  laid  25,000 
ft.  of  6-  and  12-in:  mains  in  hand  excavated  trenches  at  a  labor 
Cost  for  digging,  laying  and  backfilling  of  29  ct.  a  foot  for  the 
smaller  ftnd  36  ct.  a  foot  for  the  larger  size.  Much  more  pipe  was 
laid  in  1916  and  this  year  because  of  the  rapid  growth  of  the 
city."  While  complete  unit  costs  for  the'  last  year's  work  have 
not  yet  been  compiled,  it  is  known  that  rising  wages  caused  con- 
sidferaible  increase  over  those  of  1915.  Records  for  10,000  ft.  of 
6-in.  main  laid  at  one  time  last  year  show  a  total  labor  cost  of  37 
ct.  per  ft.,  of  which  digging  alone  represented  19  ct.,  with  com- 
mon labor  271^  ct.  an  hour.  The  trench  was  in  clay,  with  shale 
at'  the  bottom.  As  compared  with  this,  the  first  performance 
with  the  trenching  machine,  ej^cavating  for  1,620  ft.  of  line,  was 
accomj)lished  at  a  fuel  and  labor  cost  of  8.2  ct.  per  ft.  for  actual 
digging;  This  was  in  gravel'  which  required'  sheeting,  the  cost 
of  which  is  included  in  the  above"  figure.  On  another  occasion,  in 
digging  through  cut-over  lahd,  where  many  large  bikt  partly  rotted 
stumps'  were  cut  through,  682  ft.  of  trench  was  dug  in  four 
hours,  at  a  cost  of '$7.55'  for  three  riien  and  15  gal.  of  gasoline  — 
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only  1.1  et.  per  ft.  On  Oct.  5  the  machine  made  its  speed,  record 
of  660  ft.  in  three  hours,,  $3.02  for  gaspline  and  $1,88  for,,th^, 
wages  of  the  engineer  iand  helper  being  (charged  tp  the  operation. 
This  was  &bout  0.75  ct.  per  ft.  Both  trenches  were  in  shale  at 
the  bottom. 

■That  these  costs  are  typical  of  the  work  is  showiji  by  the,  record 
which  the  machine  made  on  its  most  difficult  bit  of  digging. 
Last  winter,  with  18  in.  of  ground  frozen  hard,  it  dug  in  one  oper- 
ation 7,220  ft.  of  2  x.5i^-ft.  trench  at  an  average  speed  of  3,  fjt,,per 
minute.  The  bottom  of  this  trench  was  in  shale,  the  average 
depth  of  which  proved  to  be^44  in.  Oyer  mo^t  of  the  trench  the 
clay  was  frozen  to  the  top  of  the  shales. 

This  shale  is  not  laminated  clay,  but.  a  true;  shale,  which  can 
be  ■  picked  in  excavating  hell  holes,  but  which  it  pays  tp  shoot 
when  any  considerable  yardage  must  be  removed  by  hand. 

Excavating  and  Backfilling  by  a  Carson  Trench  Uachine. 
The  following  data  are  taken  from  Engineering  Record,  Jan.  2, 
1915,  relative  to  sewer  work  in  Yancpuver,  B.  C. 

Thei  machine  is  desigiwd  tp  be  set  up  over  a  340-ft.  length  of 
trench,  from  which,  excavated  material  is  loaded  directly  into 
buckets,  which  elevate  it,,  run  back  along  the  trench  and  dump 
it  as  backfill  over  pipe  already  in  place.  It  is  obvious  tha,t  the 
pipe  jnust  be  laid  at  the  same  rate  as  the  excavation  advances. 
The  buckets  are  operated  by  cables  running  through  carriers  on 
an  overhead  rail,  which  is  supported  over  the  center  line  of  the 
trench  and  12  ft.  above .  the  surface  of  the  groimd  by  nineteen 
wooden  trestles.  Each  trestle  is  mounted  on  two  wheels,  one  on 
each  side  of  the  trench,  which  rest  on  the  rails  of  an  8-ft.-gage 
track.  This  track  carries  the  fengine  as  well  as  the  entire  .340-ft.T, 
length  of  framework,  thus  greatly  facilitating  moving  ahead,  as 
work  advances. 

Excavation  is  carried  on  simultaneously .  in  two  48-ft.  lengths 
of  the  trench,  a  gang  of  six  men  working  in  each.  The,  machin^ 
is  equipped  for  handling  i  six  Vg-cu.  yd.  buckets  at  a  time,  so  that 
by  keeping  18  buckets  on  the  job,  a  set  of  empties  is  always  left  in 
the  trench  when  full  ones  are  removed,  and; the  workmen  need 
never  wait  while  buckets  are  being  dumped.  Under  thigi  plan 
each  man  has  an  8-ft.  length  of  trench  to  work  in,,  and  fills  his 
bucket  independently  of  others..  When  loaded  buckets  arehoisted 
to  the  limiting  position  they  are  automatically  locked  to^the  car- 
riers, which  are  then  drawn  along  the.pverhead  rail  to  the,, point 
where,  the  fill  is  being  made.  Here  the  buckets  are  dumped  sep- 
arately by  a  lockman,  who  moves  along  the  bucket  line  on  a 
plank  walk  supported  by  the  trestles.  This  lockman  signals  the 
engineer   for   each' move,  and,  is  the   only  man   required   on   the 
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bucket  line,  tlie  empty  buckets  being  taken  from  the  cables  and 
full  ones  substituted  by  the  workmen  in  the  trench  bottom. 
The  work  of  taking  down  the  machine,  moving  to  another  job 
and  setting  up  again  ordinarily  requires  three  to  four  days'  time 
Tvith  a  crew  of  10  men.  Thus  with  a  haul  of,  say,  1  mile,  the 
total  cost  of  removing  from  one  setup  to  another  is  about  $170. 
.  j  CaniBds  Troughs.  When  small  trunk  or  lateral  sewers  were  un- 
covered for  any  considerable  length  in  excavating  the»  trench, 
temporary  provision  was  formerly  made  by  carrying  the  flow 
during  construction  in  open  wooden  troughs  fixed  to  the  side  of 
the  trench.  It  was  found,  however,  that,^  besides  being  expensive 
to  handle  and  move,  these  flumes  interfered  with  the  work  and 
cau^sed  frequent  trouble  which  could  be  entirely  eliminated  by 
the  use  of  closed  canvas  troughs.  The  latter  were.made  by  simply 
affixing  eyelets  to  opposite  edges  of  a  strip  of  heavy  canvas  of 
any  desired  width  up  to  3  ft.  Eyelets  on  both  edges  of  the  strip 
are  then  hung  on  the  same  set  of  spikes  driven  into  the  timbering 
on  the  side  of  the  trench  aiid  placed,  roughly,  on  a  fairly  steep 
grade.  This  type  of  '  trough  is  often  strung  for  the  full  340-ft. 
length  of  the  trench,  and  the  laterals  encountered  are  connected 
to  it  by  short  lengths  of  similar  tubing. 

Timbering  Methods.  A  considerable  quantity  of  timbering  is 
taken  from  job  to  job  with  the  machine,  breakage  being- replaced 
as  required.  It  has  been  found,  however,  that  with  the  system 
now  in  use  the  breakage  is  almost  negligible.  For  all  classes 
of  soft  material  l%x  lO-in.;  sheeting  is  used  in  4-ft.  lengths,  and 
it  has  been  found  that  this  works  to  much  better  adyantage  than 
the  longer  sheeting,  which  would  require  driving.  When  the 
trench  has  reached  a  depth  slightly  over  4  ft.  digging  is  stopped 
while  the  timbering  is  placed. 

The  diggers  all  help  in  placing  the  timbering,  at  least  until  the 
stringers  are  braced  in  by  jacks,  after  which  excavation  is  re- 
sumed, while  the  man  detailed  to  look  after  the  timbering  sets 
the  struts  and  lines  up  the  tinibers  generally.  This  man  spends 
all  his  time  attending  the  timbering,  carries  it  forward  as  fast 
as  it  is  removed  from  the  backfill  and  lays  it  along  the  trench 
where  it  will  be  needed  in  new  excavation.  Thus,  when  a  new 
set  of  timbering  is  required,  all  material  is  ready  to  be  passed 
down  by  the  timberman,  and  as  the  work-men  do  not  have  to 
leave  the  trench,  the  entire  operation  of  placing  timbering  in  a 
48-ft.  section  4  ft.  deep  delays  the  work  only  about  20  min. 
One  3x  12-in.  stringer  is  placed  midway  of  each  sheeting  set,  and 
opposite  stringers  are  braced  by  4  x  4-in.  struts,  spaced  on  8-ft. 
centers.  ,  When  nearing  the  depth  at  which  sheeting  will  no 
longer  be  required  the  sheeting  is  changed  from  li^-in.  to  1-in. 
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material,  which  still  further  reduces  initial  cost  and  coat  of 
handling. 

Crew.  Exclusive  of  supervision,  17  men  operate  the  machine. 
These  include  12  pick-and-shovel  men  filling  buckets,  in  the  trench, 
one  lockman,  one  engineer,  one  timberman,  one  toolman  and  a 
straw  boss.  Only  half  of  the  superintendent's  time  Ib  charged 
against  the  machine,  as  he  ordinarily  looks  after  two .  jobs.  ■  In 
addition  to  the  machine  crew,  a  gang  of  four  men  is  used  in 
laying  sewer  pipe.  Whenever  the  pipe  crew  gets  behind  with  its 
work  some  of  the  diggers  are  set  to  helping  with  the  pipe  or  con- 
crete; and,  vice  versa,  when  the  pipe  crew  has  extra  time  it  is 
used  in  the  trench  ahead.  Thus  it  is  possible  to  equalize  any 
deficiency  in  forces  or  to  compensate  for  unforeseen  difiicnltiea 
in  either  branch  of  the  Work,  a  flexibility  which  is  considered  a 
great  aid  to  efficiency. 

Cost  Data.  In  order  to  give  a  fair  idea  of  actual  capacity  of 
the  machine  and  the  cost  of  operation,  a  typical  case  has  been 
selected  in  which  about  7,700  cu.  yd.  were  handled  in  a  2,700-ft. 
trench  excavated  for  a  2-ft.  trunk  sewer.  This  work  was  done  in 
Granville  Lane,  Vancouver,  which  has  a  width  of  20  ft.  A  start 
was  made  on  the  lower  end  of  the  trench,  hand  labor  laeing  used 
until  a  depth  of  about  8  ft.  had  been  attained.  The  machine  was 
then  put  in  service  and  used  until  the  job  was  finished.  The 
maximum  depth  of  the  trench  was  about  26  ft.  The  trenchihas 
a  top  width  of  4  ft.,  which  was  maintained  until  a  depth  of  12 
ft.  6  in.  was  reached,  below  which  no  timbering  was  used,  and  the 
width  gradually  decreased  to  3  ft.  at  the  bottom.  The  work  was 
begun  in  the  fall  of  1913  and  continued  without  interruption, 
iising  one  8-hr.  shift.  The  average  volume  of  excavation  handled 
in  8  hr.  was  45  cu.  yd.  A  careful  distribution  of  the  costs  on  this 
work  gives  the  following  results ; 

Per  cu.,  yd. 

Labor  (including  superintendent  and  watchman)   $1.63 

Hauling  machine  to  the  job  ($88)   0.0115 

Erecting  and  taking  down  machine   ($96)    0.01^5 

Upkeep   of  plant 0.0428 

Running  expenses i 0,1126 

$1.81 

Depreciation  of  plant 0.04 

Interest  on  cost  of  machine  at  5%  0.02 

Total  per  cu.  yd $1.86 

The  last  two  items  in  the  table  are  values  assumed  for  the  city 
of  Vancouver,  and  might  be  quite  difl'erent  under  other  circum- 
stances. The  life  of  the  machine  was  assumed  at  10  yr.,  it  being 
assumed  that  in  city  service  it  would  last  much  longer  than  in 
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ordinary  contracting  service,  and  5%  is  the  rate  at  which  the 
city  secures  money  for  such  purchases.  It  should  be  noted  that 
only  one  haulage  charge  is  made  in  these  figures.  This  is  be- 
cause the  machine  is  Isept  busy  continually  by  being  moved  from 
one  job  direct  to  another.  In  contractors'  service,  if  the  machine 
were  returned  to  the  storage  yard  after  each  job,  the  haulage 
item  would  be  doubled.  The  labor  item,  which  is  so  large  a  pro- 
portion of  the  total,  is  based  on  the  following  labor  costs  per 
hour  for  an  8-hr.  day:  Pick-and-shovel  men,  40  ct.;  timberman, 
421^  ct. ;  lockman,  42^  ct. ;  steam  engineman,  53^^  ct. ;  toglman, 
37^  ct. ;  straw  boss,  42^  ct.,  and  one-half  superintendent's  time, 
621^  ct.  "  Upkeep  of  plant "  includes  ordinary  wear  and  tear,  as 
well  as  minor  breakages,  while  "  running  expenses "  includes 
coal,  water,  timber,  tool  sharpening,  etc.,  Twp  items  which 
might  have  to  be  included  under  other  circumstances  are  em- 
ployer's liability  insurance  and  excess  spoil  haulage  —  the  latter 
in  cases  where  excavation  and  fill  could  not  be  figured  to  bal- 
ance. 

The  .question  of  minimum  trench  depth  at  which  the  machine 
would  be  efficient  has  been  worked  out  for  Vancouver  labor  price 
as  about  8  ft.  for  the  usual  case.  However,  if  the  job  was  com- 
paratively short  and  the  haul  very  long,  a,  depth  as  great  as  12 
or  14  ft.  might  be  the  minimum.  A  feature  that  tends  to  maHe 
pick-and-shovel  men  efficient,  or  at  least  keep  them  all  up  to  a 
uniform  standard,  is  the  fact  that  no  one  can  do  less  than  the 
others  without  having  this  known,  since  all  six  buckets  come  up 
at  once;  when  one  man  is  slower  than  the  others  he  will  still  be 
working  while  the  remainder  of  the  crew  wait.  It  is  to  be  noted 
that  in  practice  this  generally  works  out  so  that  after  the  first 
few  days  on  a  job  there  is  remarkable  uniformity  in  the  time  the 
men  require  for  filling  buckets.  •  ,    ; 

The  machine  used  in  Vancouver  was  purchased  early  in  1911 
for  $5,000,  duty  paid,  and  was  made  by  the  Carson  Trench  Ma- 
chine Company  of  Boston. 

Cost  with  Austin  Trench  Excavators.  Ernest  McCullough 
gives  the  following  data  relating  to  work  done  by  the  "  Chicago 
Trench  Excavator,"  a  machine  made  by  the  F.  C.  Austin  Co.  of 
Chicago. 

The  machine  consists  of  an  endless  chain  provided  with  cutters 
and  scrapers  which  deliver  the  earth  onto  a  traveling  belt,  the  ex- 
cavators and  conveyors  being  carried  by  a  four-wheeled  traction 
engine,  which  furnishes  the  power. 

In  laying  7^  miles  of  pipe  sewers  at  Marshfield,  Wis.,  the  daily 
cost  of  operating  the  machijae  and  laying  pipe  was  as  follows: 
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.Operator  ,  of  trench  digger   ■ .  -^ $  3.00.  ;    '    , 

'Enginema^  of  trench  digger  2,75  j 

-  Fir'enian  of  trench  digger •  -  •        2.25  /     '.^  i ' ' 

Man  trimming  bottom ,  of  trench   i-..  ;    ?.25j    ,i^^,. 

2  men  bracing  trench  with  plank  ^.00'     * 

2  pipe  layfere',  at  $2.50 -.....'. 5.00 

2  men  furnishing  pipe  and  mortar , ; ,  ,4.00. .     ,   ,. 

2  men  tamping  'eartli  around  pipe  4.00 

1  man  shoveling  earth  down'to  the  tampers  -■-.'■     2.00    '' ■'  '' 

2  teams,  and  drivcsrs  scra,ping-baclcfill  7.50      .  Vf, 

4  men  holding  the  scrapers 8.00  ,  ' 

,      ,       -     Total  labor  per  10-hr.  day , $44.75 

About  %  ton  of  coal  was  used  daily. 

The^  trench  was  27  in.  wide  and  averaged  7  ft.  deep.  The  best 
day's  run  was  850  lin.  ft.  of  trench,  or  500  cu.  yd.  in  10  hr.,  in  dry 
clay  containing  no  stones.  On  another  day  nearly  500  ft.  were  rlin 
in  spite  of  many  stops  to  blast  out  boulders.  A  fair  average  was 
400  to  500  lin.  ft.,  or  300  cu.  yd.  per  day.  Due  to  the  jarring  of 
the  ground  by  the  m&chine  it  is  necessary  to  brace  the  trench. 

i  am  informed  by  Mr.  McCullough  that  records  of  650  cu.  yd. 
per- day  have  been  made  with  this  machine. 

These  trench  excavators  are  made  in  four  sizes  to  excavate  from 
14  in.  to  60  in.  in  width  and  up  to  20  ft.  in  depth. 

As  confirming  these  data  of  Mr.  McCullough's,  the  following 
records  given  by  Mr.  B.  Ewing  are  of  value :  '  In  the  summer  of 
1904,  many  miles  of  pipe  sewers  were  built  at  Wheaton,  111.,  by 
contract.  Two  Chicago  (Austin)  Excavators  were  used,  cutting 
a  trench  2%  ft.  wide,  7  to  18  ft.  deep.  One  machine  would  ex- 
cavate 750  lin.  ft.  of  trench  7  ft.  deep  through  hard  clsty  mixed 
with  small  stones,  in  a  10-hr.  day.  In  cutting  trenches  15  to  18 
ft.,  a  machine  wbuld  average  150  to  200  lin.  ft.  per  day,  depending 
upon  how  much  bracing  was  necessarj'. 

TJse  of  an  Austin  Excavator  at  Moundsville,  W.  Va.  The  fol- 
lowing data  are  from  a  paper  by  A.  W.  Peters,  in  Engineering 
and  Contracting,  Feii.  28,  1912. 

The  work  entailed  the  construction  of  3.5  miles  of  trench  0  to 
6  ft.  deep,  16.5  miles  6  to  8  ft.  deep,  3  miles  -8  to  10'  ft.  deep,  and 
3  miles  de'eper  than  JO  ft.  As  labor'  troubles  developed,  and  as 
the  conditions  were  suitable  to  machine  work,  a  No.  00  Chicago 
sewer  excavator  was  installed.  This  machine  was  fitted  with 
buckets  22  in.  wide,  and  had  a  separate  set  of  buckets  27  in.  widei. 
The  length  of  arm  was  8  ft.  but  there  was  an  extra  2  ft.  extension 
that  enabled  the  machine  to  dig  10  ft.  deep. 

The  soil  was  excellent  for  machine  work,  consisting  mainly  of 
fine  sand  mixed  with  loam  and  unstfatified  yellow  clay,  moist 
enough  to  stand  well  with  occasional  vertical  braces.  Where 
sand  predominated  the  machine  had  a  large  output,  but  where 
clay  predominated  the  speed  was  much   slower. 
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The  backflll  was  divided  into  two  operations:  (1)  Filling  in 
and  tamping  by  hand  1  ft.  of  earth  covering.  This  cost  about  16 
ct.  per  cu.  yd.  (2)  Filling  in  (jhe  remainder  of  the  trench.  This 
was  done  with  a  Sydney  scraper  and  team.  Tamping  was  ac- 
complished by  flushing  the  trenches  with  w;ater  from  hydrants. 
Two  men  followed  the  scraper  cleaning  out /the  gutter  and  round- 
ing off  the  flU.  The  coat  of  the  backfill  scraper  work  per  day 
wqp  as  follows: 

Team  and  driver f  4.60 

Helper  on  scraper 1<75 

Helper  on  hose,  etc 1.75 

Gleaning  up  gutter,  2  men  at  $1.75 3j50 

Water,  5,000  gal.,  at  10  ct.  per  M , ,0.50 

Per  day  of  ten  hours  ;...'.....    $12.00 

The  average  daily  yardage  of  backfill  was  280  cu.  yd.  at  a  cost 
of  4.4  ct.  per  cu.  yd.    The  best  day's  work  was  380  cu.  yd. 

The  daily  cost  of  trench  excavation  with  the  machine  was  as 
f  oll6ws : 

Operation :  '  . 

, ;   SupejiintendenQe $  1.50   . 

Engineman  and  helper    4.75    '   ■      • 

Watchmttn': 1.75    ,. 

:•     -Ooali  15,  bu.  at,7  ot.,,„, : 1.05 

,  Water,  1. single  team 2.50 

'       "     Pliiniber,  service  pipesi  average  1.00 

Total  per  day $12.55 

Sheeting:    Uprights  and  jacks;  no  rangers. 

,  ,  J  :     .,,  2  mpn  at  $1.75  ,.,,.....,,.. $  3.50 

Luniber,  used'  repeatedly,  neglected.  '-^ 

Maintenance '■.   .  /^    ..,  .    .  '.  > , :  , . 

Replacing  dull  spuds  on  buckets  ....  1 ...  ^ $  0.50 

Engineman's  time  Sunday  cleaning  up,  $3.00/6 0.50 

,    ,,      ,  Total   maintenance ^ $1.50 

Depreciation:  '.    ,■ 

Life  of  machine  figured  at  5  years,   9   months   to 

>   the  year,  25  days  to  the  month  $  4.00 

:      '  Daily  total    (10  hr.).   ,,........ $21.55 

In  23  days  4,100  cu.  yd.  were  excavated,  at  a  cost  of  12.1  ct. 
per  cu,  yd.;  but  the  actual  digging  time  was  203  hr.  The  beat 
day's  work  was  321  cu.  yd.,  at, a  cost  of  6.7  ct.;  and  the  poorest 
day's  woi'k  was  82  cu.  yd.,  because  of  bad  banks,  at  a  cost  of 
26.2  ct..  . - 

Cost  with  an  Austin  Excavator  at  Glencoe,  HI.  Engineering 
and  Ooiitractini/,  Apr.^5,.  1911,  gives  the  following  by  Don,  E. 
Marsh,  relating  to  a  sewer  system  constructed  at  Glencoe,,  HI., 
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beginning  August,  1910.  The  lengths  and  depths  of  the  various 
sizes  of  sewers  are  as  follows :    ; 

15,56b  lin.  it;  o't  8-in:pipe.  S  to  12  ft.  cut. 
'  '5,600  lin.  ft.  of  10-in.  pipe,  7  to  13  ft.  cut. 
,ui         ?50  lin.  ft.  of  18-in.  pipe,  about  13  ft.  cut. 
1,000  lin.  ft,  of'15-in.  pipe,  alidut'16  ft.  cut. 
4,700  lin.  ft.  of  IS-in.  pipe,  from  very  shallow  to  30  ft.  cut. 

The  soil,  especially  in  the  deep  cuts,  was  hard  clay,  the  top 

15  ft.  being  a  brownish  clay  with  some  traces  of  sand,  and  the 
remainder  a  hard  blue  clay.  During  the  fall  and  winter  months 
this  soil  became  extremely  hard  and  diflBcult,  and  could  not  be 
dug  by  hand,  without  the  aid  of  a  pick.  This  was  an  advantage 
in  some  respects  as  it  obviated  the  need  of  sheeting:  During 
part  of  the  work-there  was  frost  in  the  ground  to  a  depth  of  14  to 

16  in. 

A  small  amount  of  the  excavating  v^as  done  by  hand,,  but,  the 
greater  quantity  was  performed  by  two  Austin  sewer  excavator^. 
The  large  machine  dug  trenches  33  in.  wide  and  up  to  25  ft.  deep. 
Before  digging  trenches  of  originally  greater  depth  than  .25,  ft. 
the  street  was  graded  down  3  or  4  ft.,  and  the  remaining  foot  or 
two  left  by  the  machine,  in  the  bottom  of  the  trench  was  exca- 
vated by  hand,  the  dirt  being  thrown  on  the  boom  of  the  exca- 
vator or  on.  the  completed  pipe  line.  The  smaller  machine  dug 
to  depths  as  high  as  15  ft.  The  sides  of  the  trench  were  left 
vertical  and  smooth.  Vertical  planks  13  ft.'  apart  in  deep 
trenches  and  less  in  shallow  cuts,  with  extension  screw  braces, 
were  used  for  bracing.  At  only  a  few  points  was  caving  experi- 
enced. ^  '"  "    ■ 

The  cost  of  backfilling  was  excessive,  as  it  wa:s  done  by  hand. 
An  automatic  backfiller  was  tried,  but  as  this  makes  it  neces- 
sary to  keep  the  pipe  laid  close  up  tp  the  Jjoom  of  the  machine 
its  use  was  abandoned.        ,.  ,  ,^    ,  , 

From  records  of  a  few  average,  days  the  cost  of  labor  in 
trenches  25  ft.  deep  was  about  as  follows,  with  an  average  prog- 
ress of  80  lin.  ft.  per  day,  or  200  cu.  yd. 

1  foreman $    8.00 

SxcaTating  machine,  including  operator  ^ 40.00 

1  engineman   ^ '. 4.00 

1  fireman     ., '..., ,3.00 

5  trenchmen  at  $3.00   .: 15.6&      'i 

20  laborers,  backfilling,  at  $2.50  .. . -. 50.00  r 

2  teams,  at  $6.00 ■-■ 12.00 

Coal ' ':.., 5.00 

Kepairs  and  sundry  expenses    ;. 1,0.00 

Total  per  day $147.00' 

This  is  equivalent  to  $1.86  per  lin.  ft.,,  or  aibout.  73  ct.  per 
cu.  yd.  ,, 
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Work  of  Austin  Excavator  in  Shale.  The  following  data  give 
the  comparative  costs  of  trenching  for  36-in.  pipe  through  fairly 
hard  New  Jersey  shale.  The  material  was  of  such  nature  that  it 
could  be  picked  and  shoveled.  The  total  cost  of  trenching,  lay- 
ing, calking,  and  backfilling,  including  the  cost  of  small  tools, 
plant  charges,  etc.,  except  the  pipe  itself,  for  7  miles  of  36-in. 
pipe  was  $1.10  per  foot.  Records  taken  of  the  cost  at  various 
times  gave  the  following  results: 

Work  during  two  weeks  of  8  working  days  in  September,  trench 
4  ft.  wide  by  6  ft.  deep,  total  pipe  laid  2,412  ft.,  an  average  of 
301  ft.  per  working  day.     The  cost  was  as  follows: 

Bental  of  machine    $0,114 

liabor,   coal,   teams    0.140 

Total  per  lin.  ft $0,294 

Work  during  5  working  days,  trench  4x6  ft.,  tdtal  pipe  laid, 
1,944  ft.,  an  average  of  389  lin.  ft.  per  working  day,  at  a  cost  as 
follows : 

Rental  of  machine  ?0.130 

Labor,   coal,   teams    082 

Total  per  lin.  ft $0,212 

Work  by  hand  on  same  job,  trench  5  ft.  10  in.  by  4  ft.  4  in., 
cost  of  excavation  and  backfill,  $0,826  per  lin.  ft.  Laying  and 
calking  cost  $0,143,  and  lead  cost  $0,285  per  lin.  ft. 

Work  of  an  Austin  Trench  Excavator.  This  excavator  equipped  ~ 
with  caterpillar  traction,  was  used  to  excavate  a  portion  of  the 
trenches  for  underground  telephone  trunk  lines  between  Washing- 
ton and  Philadelphia.  According  to  Engineering  News,  May  25, 
1911,  the  machine  excavated  daily  1,000  lin.  ft.  of  trench  1.5  ft. 
wide  and  3  ft.  deep.  The  capacity  of  the  machine  was  found  to  be 
about  3  it.  of  clean  trench  for  each  minute  of  working  time. 

Again  in  Engineering  News,  Aug.  6,  1914,  data  are  given  on  'an 
Austin  Trench  Excavator  which  was  used  to  excavate  a  water-pipe 
trench,  6  ft.  wide  by  6  ft.  deep,  through  various  kinds  qt  ma- 
terials, mostly  gravel.  In  the  actual  operating  time  of  122  hr., 
5,035  ft.  of  trench  was  excavated.  The  operating  cost  of  the  ma- 
chine was  about  $15  per  day. 

Excavation  in  Chicago  is  described  in  Engineering  and  Con- 
tracting, July  17,  1912,  as  follows:  An  Austin  No.  1  trench  ex- 
cavator equipped  with  buckets  cutting  42  in.  wide,  was  used  in 
1912  to  excavate  black  loam  and  underlying  blue  and  yellow  clay. 
The  average  depth  was  14  ft.  Sheeting  was  composed  of  vertical 
planks  set  2  ft.  apart.  The  sewer  was  a  36-in.  i  circular  brick 
sewer,  and  it  was  necessary  for  three,  men  to  pick  and  undercut 
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the- sides  and  trough  the  bbttom  after  the  machine.  The  daily 
cost  of  operating  the  excavator  was  as  follows: 

Bngineroan    .r $5.00 

Tireman : '2.50     '    '    ' 

Coali  %  to  1  ton  4,00 

^  Qil  and  waste 0.50 


Total  per  day   ..;...!... $12.00 

The  speed  of  the  machine  was  regulated  by  the  rate  of  brick- 
laying, the  force  employed  on  that  part  of  the  work  being  30 
men.  From  June  3  to  July  8,  1,600  !ft.  was  excavated  but  the 
machine  had  made  runs  on  two  faVoi^ble  days  of  184  ft.  and  170 
ft. 

Cost  with  Trench  Excavators  at  Alton,  111.  J.  E.  Schwab  in 
Engineering  and  Contr doting,  Feb,  10,  1915,  gives ,  tlje,.  following : 

In  the  construction  of  this  sewerage  system  there  were  used  one 
small  00  Austin  gasoline  ditching  machine  which  excavated  a 
ditch  24  in.  wide.  The  following  output  data  were  furnished 
by  Gr.  M.  Johnson,  of  the  Lillie  Construction  Co.,  sub-contraotora, 
and  owners  of  this  machine: 

Total-  amount  of  work  done,  lin.  ft.  19,800 

No.  of  working .  days  ,.,...,.., 90 

Average  cut  per  day,  lin.  ft '. 220 

,.     ^    Maximum  cut  per  day,  lin.  ft 800 

Average  cost  per  daj^  for' operation  $30 

'  '■■     -  "'  ■  Average  Cost  Per  Foot  for  Laying  Pipe.  Ct. 

Operation  of  macliine 13.6  -;, 

I,  Incidentals ,1.4 


Total  >  cost  per  foot' for  ^excavation \15.Q 

Laying  pipe   - ' —  '. 4.0 

EefiUing     3.0 


,  '      .Excavating,  laying  pipe,  and  refilling  trencli   22.0' 

Cost  of  cu.  yd.  of  excavation  18.4 

iD,epth, of  trench  averaged  11  ft.,  with  a  ma,ximum  of  22  ft.  and 
a  minimum  of  4  ft.  , 

There  w,as  also  used  a.Pairsons  steam  ditching  machine  with 
backfiller,  which  excavated  a  di1;ch  28  in.  wide.  The  following 
figures  as  to  the  woi;k  done  by  this  machine  are  only  approximate: 

Total  amount  of  work  done,  lin.  ft:- :'.'.....' 18,000  '        ' 

Number  '  of 'Wbrki^g  :da_ys ,  90.    , 

Average  cut  per  day,  lin.  ft. ■...,.•■. 200 

Average  cost  per'day  for  operation;  laying  pipe,  and  ^" 

backfilling    ...■..■ ;   $^5  . 

Average  depth  of  trench  excavated,  ft li% 

The  balance  of  the  main  line  sewer,  where  conditions  were  un- 
favorable for  the  use  of  excavating  machines*  and  all  laterals 
were  put  in  by  hand  gangs. ' 
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The  Buckeye-  Traction  Ditcher.  This  excavator  consists  of  a 
traveling  engine  equipped  with  a  vertical  digging  wheel  at  the 
rear.  This  wheel  is  fitted  with  digging  buckets  of  any  of  three 
types :  The  gumbo  or  open  bucket  for  sticky  soils ;  the  solid 
or  closed  bucket  for  dry  soils  |  and  the  combination  contractors' 
_  bucket  with  cutting  teeth  for  general  hard  work.  To  insure  a 
clean  ditch  a  shoe  or  runner,  carrying  the  weight,  of  the  wheel, 
is  drawn  back  of  the  cutters.  The  machine  reaches  the  full  depth 
at  one  cuifc  and  leaves  the  bottom  at  grade.  It  may  be  fitted  with 
wheels  or  with  caterpillar  traction.  Most  of  the  machines  are 
furnished  with  gasoline  engines  but  the  larger  machines  may  be 
obtained  with  steam  power. 


Fig.   23.     Buckeye  Traction   Ditcher,   14i^-in.  x  4^-ft. ,  Machine 
with  Apron  Traction. 


These  machines  range  in  size  from  the  No.  0,  cutting  11,5  in. 
wide  and  4.5  ft.  deep,  and  the  No.  1,  cutting  11.5  and  14.5  in.  wide 
and  4.5  ft.  deep,  to  the  No.  10  machine,  cutting  28  and  30  in. 
wide  and  iS  ft.  deep.  They  weigh  from  7  to  38  tons  and  costi  from 
about  $240  to  $280  per  ton  in  1916.  Caterpillar  wheels  cost 
about  $30  per  ton  of  weight  of  the  entire  machine,  extra.  The 
caterpillar  traction  machine  with  wheel  raised  is  shown  in  Fig. 
23. 

These  machines  are  made  by  the  Buckeye  Ti:action  Ditcher  Co., 
Fiiidlay,  Ohio. 

Cost  with  a  Buckeye  Traction  Ditcher.  Engineering  and  Con- 
tracting, Feb.  12,  1908,  gives  the  following: 

Thirty-six  miles  of  trenching  was  excavated  for  a  wooden  pipe 
line  for  the  water  system  at  Greeley,  Colo.  About  2,000  fi.  in 
rock  was  excavated  by  hand,  and  the  remainder  in  earth  by  a 
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Buckeye  28-in.  x  7.5-ft.,  17-ton,  drainage  machine.  Kight  miles^ 
of  trench  was  through  gravel  containing  many  stones,  With  some 
cemented  gravel.  The  remainder  was  in  clay,  rather  hard.  The 
average  number  of  linear  feet  per  day  was  027,  or  222  cu.  yd. 
In  10  hr.  the  machine  dug  from  600  to  1,000  lin.  ft.  in  gravel,  and 
up  to  2,500  ft.'  In  clay,  while  actually  working,  the  trench  being 
30  in.  wide  and  4  ft.  deep. 

The  daily  cost  of  the  work  was  as  follows: 

Eilgineman     $5. 

3  helgerB  at  $3   ,9 

Coal,  1  ton  at  $5 5 

Plant  charges    6 

Total  per  day   $25 

About  1  gal.  of  water  per  pound  of  coal  is  consumed. 

The  "  plant  charges "  are  estimated  at  30%  annually  on  a 
$5,200  excavator,  and  250  days  worked  annually.  On  this  basis 
the  cost  of  300  days'  work  averaged  '4  ct.  per  lin.  ft.,  or  10.7  ct. 
per  cu.  yd. 

Costs  of  Tile  Draining  with  a  Buckeye  Machine.  At  New 
London,  0.,  a  14.5-in.  x  4.5-ft.  machine  was  used  to  drain  a  1,000- 
acre  farm.  Twelve  miles  of  ditches  were  dug  during  1910.  The 
cost  of  operation  per  100  liri.  ft."  was  as  follows ; 

iSdan  to  run  maclime   ■ $0.18 

Man  to  lay  tile  0.24 

Fuel :  gasoline  at  13  ct.  per  gal O.ll 

Repairs:  parts  and  labor  0.14 

Oil  and  grease   .' 0.01 

Total  per  100  lin.  ft $0.68    . 

The  ditches  averaged  2.5  ft.  in  depth.  The  soil  was  clayey  and 
during  the  dry  season  was  hard  digging,  and  in  wet  weather  very 
sticky.  The  apron  wheels  enabled  the  machine  to  be  successfully 
operated  in  swamps  that  could  not  be  crossed  by  teams.  Ditches 
dug  by  hand  the  previous  season  cost  $2.40  ct.  per  lOO  lin.  ft. 
Excluding  the  wages  of  the  men  laying  tile,  the  cost  was  44  ct. 
per  100  lin.  ft.,  or  less  than  4  ct.  per  cu.  yd.,  exclusive  of  interest 
and  depreciation. 

Cost  of  Tile  Trenching  with  a  Machine.  A  machine  made  by 
the  Buckeye  Traction  Ditcher  Co.,  of  Findlay,  Ohio,  was  used  on 
the-  Northwest  Experiment  Farm,  University  of  Minnesota,  in 
1903.  The  machine  dug  a  trench  141,^  in.  wide  and  41^  ft.  deep. 
It  had  an  8-hp.  boiler  and  consumed  450  lb.  of  coal  and  4  bbl.  of 
water  per  day.  It  dug  34,000  lin.  ft.  of  trench  in  45  days'  actual 
Working  time,  or  744  lin.  ft.  per  day.  The  men  who  handled  the 
machine  were  inexpei-ienced. 
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The  following  was  the  cost: 

Per  100  ft. , 

Lal^oi'  ruunini;  machine    $0.45 

Coal  at  $7.50  per  ton  : .  0.19 

Water    : 0  l:j 

Oil    0.01 

Repairs    0.13 

Total   ditching    $0.91 

Laying  tile    O.IS 

Blinding    0.05 

Inoidentdls     0.09 

Totals    I $1.23 

The  price  of  the  machine  was  $1,400. 

Although  the  machine  was  not  well  handled  and  had  not  at  that 
time  (1903)  been  perfected,  it  made  a  very  creditable  record  of 
cost,  as  contrasted  with  hand  work,  for  the  latter  cost  $3.88  per 
100  lin.  ft.  on  the  same  farm. 

Two  men  operated  the  machine. 

J  recently  saw  a  machine  of  the  same  make  and  size  on  a  farm 
in  New  Jersey .  where  it  was  averaging  2,000  lin.  ft.  of  trench 
(15  in.  x3  ft.)   in  10  hr. 

Tile  Trenching  with  a  Buckeye  Ditcher.  The  following  is  from 
an  abstract  of  Bulletin  110  of  the  University  of  Minnesota  by 
Engineering  and  Contracting,  Oct.  21,  1908. 

A  Buckeye  Traction  Ditcher,  which  cut  a  trench  41^  ft.  deep 
and  1414  in.  wide,  had  been  sent  to  the  farm  in  1903  for  dem- 
onstration plirposes,  and  was  used  throughout  the  Season.  This 
machine  consists  of  a  four-wheel  truck,  4  ft.  wide  and  12  ft. 
long.  The  distance  between  the  wheel  centers  is  6  ft.  4  in.,  and 
7  ft.  between  front  and  real  axle.  The  rear  axle  serves  as  a 
drive  shaft  and  is  geared  to  the  engine  shaft  by  chain  belting. 
On  the  front  end  of  the  truck  is  placed  an  8-hp.  vertical  boiler, 
and  imniediately  back  of  the  boiler  is  a  6-hp.  single  engine.  At- 
tached to  the  rear  of  the  truck,  is  a  frame  carrying  the  cutting 
wheel. 

This  machine,  in  63  days  of  which  45  were  working  days,  dug 
33,498  lin.  ft.  of  trench,  an  average  of  744  ft.  per  working  day. 
The  machine  was  operated  at  its  lowest  working  speed,  which 
would  cut  100  ft.  of  trench  in  32  min.,  but  unavoidable,  delays 
cut  down  the  daily  run.  At  wet  spots  planking  was  required 
beneath  the  traction  wheels,  and  trouble  at  the  places  caused 
much  delay.  The  earth  collected  on  the  elevator  rollers,  and  the 
grass  roots  sticking  on  the  knives  made  it  necessary  to  cjean 
them  after  every  35  or  40  ft.  This  latter  trouble  was  partially 
remedied  by  turning  two  furrows  with  a  breaiking  plow  along 
the   side   lines   of   the   proposed  treflch.     Another   difficulty   was 
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caused  in  wet  soil  by  the  shoe  rolling  up  the  soil  from  the  bottom 
of  the  trench,  and  necessitating  hand  dressing  with  a  scoop.  The 
machine  as  a  rule  required  the  services  of  two  men,  one  to'  at- 
tend the  boiler  and  engine  and  another- to  look  after  the  ratchet 
wheels  that  control  the  line  and  grade.  The  coal  consumption 
averaged  6t)  lb.  per  100  ft,  of  trench,  varying  from  50'  to  80  Ih. 
according  as  the  weather  was  cold  or  warm  and  varying  with  the 
nature  of  the  soil.  This  coal  was  carried  in  the  water,  tank  and 
its  conveyance  to  the  worit  is  charged  to  water  account.  About 
9  bbls.  of  water  were  carried  per  tanit  load.  This  water  was 
placed  in  barrels  along  the  trench,  one  barrel  per  200  ft.  being 
required. 

The  speed  of  the  machine  in  moving  from  one  joh  to  another, 
including  the  time  lost  while  taking  ,on,  coal  and  water,  was  about 
%  mile  per  Iir. 

As  the  machine  could  not  make  curves  of  shorter  radius  than 
300  ft.  it  was  necessary  to  start  most  of  the  ditches  with' hand 
work. 

Table  I  gives  the  cost  of  three  examples  of  trenching  with  the 
machine.  Example  1  is  the  cost  of  digging  ,8,750  lin.  ft.jaf  trench 
in  13  working  days.-  In  this  ti,me  th§,  machine  was.l9,id  up  three 
days  for  repairs,  tti,e  aeti^ial  time  worked  being  10  days.  The 
average  run  was  875  ft.  per  day.  This  example  represents  aver-' 
age  conditiona  and  shows  what  the  machine  can  do   in  average' 

soil.       "-,,.•!  '  '       '1,     ' '       '  ,  ';  ""   ''"       ,    ' 

TABLE  I  —  COST  OF  TRENCHING  AND  TILLING  100  FT. 

,  Example  1    Examples,    Examples 

Labor  of  running  machine, . .  $0,457  $0,409  $0,516 

Coal     ' .,,,,,  0.188  0.190                0.263 

Water     ',,,....;....  0.126  0.087                0.126- 

<   ',     Oil    0.012  0.010                0.014 

,  Repairs 0.112  0.100                0.200 

Laying    tile 0.183  ■  0.212                0.235 

Blinding  0.048  0.053                0.062 

Incidentals    0.092  0.015                0.012  ' 

Total  per  100  ft.    .....,...,,  $1,218  $1,076  $1,428 

Coal  <!ost, $7.50  per  ton  deliyered  at  the  .farm.' 

Example  2  represents  more  favorable  conditions.  The  soil  was 
dry,  the  sod  thin,  and  the  work  was  closer  to  headquarters, 
i;equiring  less  time  f OT  the  men  in  going  and  coming  back  and 
fortli.  There  were  400  ft.  of  trench  at  the  outlet  ends  of  two 
ditches  that  exceeded  4.5  ft.'  in  depth.  These  sections  were  dug  by 
hand.  On  iive  other  ditches  there  were  from  100  to  200  ft,. at  the 
outlets  that  exceeded  4.5  ft.  in  depth,  and  over  these  the  machine 
excavated  to  its  full  working  depth,  the  bottom  of  the  trenches 
being  dug  to  grade  by  hand.     This  extra  cost  of  hand  work  is 
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not  shown  separately  but  is  added  to  the  niachi,iie  .^^coupt, ; ,  The 
total  length  dug  in  this  section  was  10,450  ,ft.,  ,  • 

Example  3  gives  the  cost  ;of  14,2p8  ft,  dug  in  wet,  soil  covered 
with  broken  sod.  Two  ditches  were  in, wild  spd  th;a,t  .hai^  never 
been  broken. 

The  average  cost  of  trenching,  tile  laying,  and  blinding  for  all 
machine  work  was  $1.25  per  100  ft.  This  compares  very  favorably 
with  the  cost  of  digging  100  ft.  of  the  same  sized  trench  by  hand, 
which  cost  was  $3.88  per  100  ft. 

The  machine  did  not  work  as  rapidly  as  was  expected,  and  there 
were  more  delays  from  breaks  than  looked  for,  However,  the  soil 
is  difficult  to  work,  being  much  slower  to  handle  by  either  spade 
or  scraper  than  in  many  localities  where  tile  work  is  done,  and 
many  of  the  delays  were  due  to  the  nature  of  the  soil,  although 
the  work  was  performed  at  the  favorable  season  of  the  year. 
The  best  condition  for  machine  work  would  be  in  dry  ground« 
which  is  in  cultivation,  the  drier  and  harder  the  soil,  the  speedier 
can  the  trenching  be  done. 

The  machines  which  have  been  made  during  the  past  season 
have  a  number  of  improvements  over  the  one  used.  It  is  believed 
that  many  of  the  diflBculties  with  this  machine  would  not  be  ex- 
perienced in  one  of  the  later  models. 

On  account  of  the  scarcity  and  high  price  of  labor,  the  tiling 
system  could  not  have  been  completed  this  season  if  the  machine 
had  not  been  used,  and  the  cost  of  work  done  would  have  been 
much  greater.  The  machine  was  operated  and  all  the  work  in 
connection  with  it  was  done  entirely  by  farm  help.  The  foreman 
operated  the  machine  the  greater  part  of  the  time.  When  the 
machine  was  laid  up  for  repairs,  the  help  was  used  on  other  farm 
work,  the  rules  for  a  day's  work  on  the  farm  being  that  the  men 
should  leave  the  barn  at  7  and  1  o'clock  and  arrive  at  the  barn  at 
12  and  6  o'clock.  In  the  foregoing  table  of  cost  per  100  ft.,  no 
allowance  was  made  for  the  first  cost  of  machine.  This  machine, 
if  bought  new,  would  cost  $1,400.  As  it  was  a,  machine  which 
had  been  used  by  the  factory  for  demonstration  purposes,  it  was 
considered  4s  a  second-hand  machine  and  was  secured  by  the  state 
at  much  less  than  the  original  cost.  An  estimate  of  the  deprecia- 
tion of  jnachinery  or  interest  on  the  investment  is  not  considered 
in  the  cost,  of  the  work. 

The  Havland  Tile  Ditcher.  This  machine,  Fig.  24,  is  designed 
for  ditching  and.tiling  wet  farm  lands.  The  outfit  consists  of  a 
tractor  that  draws  a  ditcher  or  excavator,  and  is  made  in  two  sizes 
known  as  the  single  wheel  which  has  a  single  digging  chain  and 
the  double  wheel  which  has  a  double  digging  chain.  Both  ma- 
chines have  caterpillar  traction.     Four-flifths  iof  the  weight  is  25  • 
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to  40  ft.  ahead  of  the  ditch  bottom.  Tile  can  be  laid  accurately 
to  grade.  The  diggers  or  shovels  are  fastened  to  a  chain  belt, 
and  are  so  arranged  that  when  the  shovel  strikes  a  stone  or  other 
unyielding  obstruction  the  chain  buckles  and  allows' the  shovel  to 
travel  over  the  obstruction.  Shovels  are  made  as  wide  as  42  in., 
and  each  shovel  and  reamer  is  automatically  cleaned.  The  reamer 
regulates  the  width  of  excavation.  The  earth  is  thrown  to  one 
side  by  belt  conveyors.  Behind  the  digger  in  the  ditch  is  drawn 
a  sheeting  form  which  prevents  the  bank  from  caving  until  the  tile 
has  been  laid.  Tile  up  to  12-in.,  diameter  is  laid  automatically 
through  a  spout;  tile  14  to  30-in.  diameter  is  laid  by  hand.  The 
dimensions  of  the  machines  are  as  follows: 

Single  Double 

wheel  wheel 

Length   of  tractor,   ft.    22,  22 

Width  of  tractor,   ft. 10  10 

Length  of  ditcher,   ft 26  26 

Width  of  ditcher,   ft 10  10 

Shipping   weight,    lb 34,000  44,000 

,  Engine  horse  power    45  45 

'  Price     f 4,500  $6,000 

'     Tile,    diam.   lin,   ft.   deep    10  to  20  14  to  30 

Capacity,  10  to  12  ft.  deep.  ft.  per  hr.  30  to  50  26  to  40 

Capacity,  6  to  8  ft.  deep,  ft.  per  hr.. .  SO  to  100  40  to  60 

Capacity,  3  to  6  ft.  deep,  ft.  perjir...  100  to  150  75  to  100 

Koad  speed,  .miles  per  hr 1  1 


Fig.  24.     Havland  Tile  Ditcher. 


The  crew  required  consists  of  4  to  6  men  of  whom  one  is  fore- 
man and  one  engineman.  With  a  single  wheel  machine  and  four 
men  1,200  ft.  of  8-in.  tile  has  been  laid  6  ft,  deep  in  one  day.  At 
the  same  place  six  men  laid  150  ft.  by"  hand  to  the  same  depth. 
The  labor  cost  by  hand  was  $12.60  per  day.  The  labor,  gasoline 
and  oil  for  the  machine  cost  $10.50  per  day.  It  is  claimed  that 
tile  can  be  laid  by  these  machines  under  conditions  such  that  it  is 
impossible  to  lay  by  hand. 

This  machine  is  made  by  the  St.  Paul  Mfg.  Co.,  St.  Paul,  Minn. 
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TTse  of  a  Trenching  Excavator  on  Marsh  Land.  In  Engineer- 
ing and  Contracting,  Oct.  30,  1912j  the  methods  and  cost  of  con- 
structing a  48-in.  wood  stave  pipe  line  across  marsh  land  in 
Atlantic  City,  N.  J.,  is  given.  A  Parsons  Trenching  machine 
excavated  2.5  ft.  deep  and  6  ft.  viride  in  a  trench  filled  with  water, 
at  a  rate  of  500  ft.  per  day.  The  machine  was  carried  on  4  x  12-in. 
planks,  12  ft.  long,  laid  cross-ways  of  the  trench,  with  4x6-in. 
plank,  20  ft.  long,  laid  on  the  top  fflfr  the  traction  wheels  to  rest 
on.  This  work  cost  20  ct.  per  ft.,  coal  cost  $5  per  ton  and:  was 
carried  to  the  machine  across  the  marsh  by  hand  in  50-lb.  sacks. 
Water  was  rolled  in  barrels  across  the  marsh  ^  mile  to  the  ma- 
chine. 

Trenching  by  hand,  cutting  a  ditch  8  ft.  wide,  trimming  bottom 
and  sides,  the  men  in  the  ditch  standing  on  a  movable  platform 
dragged  along  vpith  them,  cost  9  ct.  per  cu.  yd.  All  spoil  was 
thrown  to  one  side.  Backfilling  the  pipe  cost  9  ct.  per  ft.  Pump- 
ing cost  10  ct.  per  ft. 

The  cost  of  constructing  an  embankment  18  in.  thick  on  top 
and  2  ft.  wide  on  the  sides  over  the  pipe,  to  a  width  of  6  ft. 
at  the  top  and  12  ft.  at  the  meadow  level,  all  the  material  being 
taken  from  the  meadow,  lO"  ft.  from  the  center  pf  the  pipe,  cost 
23.1  ct.  per  ft.  The  trench  had  to  be  cut  even  and  graded  to  act 
as  a  drain  for  the  water  in  the  pipe  trench.  The  daily  cost  of  the 
embankment  was  as  follows: 

1  foreman     ..,.; $4.0(1 

1  sub-foreman    2.50 

15  laborers  at  $1.75  26.25'     : 

1   waterboy 1.00 

Cost  of  sharpening  tools 1.00 

Total,  150  ft.  per  day -.    $34.75        ^ 

Excavation  foremen  received  $3.60  per  lO-hr.  day,  pump  nien, 
$3.50,  and  watchmen,  $2.00. 

Trench  Excavation  by  Hydraulicking.  In  Engineering  Record, 
Nov.  8,  1913,  Joseph  Jenson  gives  the  following: 

Excavation  for  the  puddle  core-wall  trench  for  the  Sevier  River 
Dam  of  the  Otter  Creek  Reservoir,  Utah,  was  started  by  a  con- 
tractor with  teams  and  scrapers.  The  trench  was  specified  to  be 
not  more  than  25  ft.  in  width  at  top  and  15  ft.  at  bed  rock,  and 
a  depth  of  about  30  ft.  The  material  was  a  mixture  varying  from 
silt  and  quicksand  to  gravel,  boulders, .  and  very  large  rock  frag- 
ments. No  tiinbering  was  used  and  the  trench  caved  until  it  was 
40  ft.  wide  at  the  top,  and  th^  rate  of  caving  in  and  sliding  down 
was  'equivalent  to  the  rate  of  excavating  the  material.  The  con- 
tractor was  relieved  from  further  Operations  in  August,  1910,  a 
year  after  signing  the  contract. 
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Work  was  then  resumed  by  the  State.  Vertical  sheeting,  driven 
in  4.5  ft.  stages  and  braced  ■  horizontally  at  the  top  of  each  stage," 
■was  used.  The  closeness  of  the  braces  (.4.5  ft.  each  way)  pre- 
vented the  use  of  plows,  scrapers,  or  cars  at  the  bottom,  of  the 
trench.  It  was  therefore  decided  to  loosen  the  material  with  a 
water  jet,  and  to  wash  it  along  the  bottom  of  the  trench  to  a  point 
where  the  fine  materials  could  be  drawn  up  by  a  pump,. the, coarse 
materials' being' handled  by  dump  boxes  and  derricks.  ,   ;  . 

The  plant  consisted  of  12,200  ft.  of  16-in.  wood  stave  pipe-line 
placed  underground,  a  small  electric-power  plant  with  house, 
transmission  lines,  motor  and  pump  settings.  Water  was  obtained 
at  an  elevation  of  430  ft.  Above  the  power  hous6  a  75-kn!.  dy- 
namo, operated  by  a  Pelton  wheel,  furnished  power  for.  a  75fhp. 
motor  driving  a  12-in.  Gould  pump.  A  4-in.  wrought-iron  pipe 
ftomi  the  main  jjipe  ran  along  the  trench  bank  and  fed  two  hose- 
lines  lat  the  ends  of  which  were  fire-nozzles.  The  pressure  of  the 
water  jet  at  the  nozzles  was  180  to  200  lb,  per  sq.  in.  The 
pumping  and  hoisting  plant  cost  $7,322,  which  does  not  include 
the  cost  of  the  power  pipe  line  which  was  charged  to  the  con- 
struction of  the '  hydraulic  filling  of  the  dam. 

In  operation  it  was  necessary  to- furnish  additional  water  to  the 
trench  in  order  to  keep  the  12-in.  pump  supplied.  The  material 
Was  loosened  and  washed  by  the  nozztemen,  the  fine  materials  -be- 
ing forced  to  the  pump  and  the  coarser  being  left  in.  piles  along 
the  trench.  These  latter  were  loaded  by  shovels  and  forks  into 
dump  boxes  and  hoisted  by  a  derrick  operated  by  teams  on  .a  whip 
cable.'  , 

The  cost  of  excavating  8,000  cu.  yd.  was  $2.90  per  cu.  yd.  to 
which  must  be  added  the  first  cost  of  the  plant  less  its  salvage 
value,  $4,322,  making  a  total  of  $3.43  per  cu.  yd. 

Methods  of  Sheeting  and  Bracing.  The  following  is  from  an 
article  in  Engineering  and.  Contracting,  Aug.  4,  1909.  Trenches 
of  slight  depth,  3  to  4  ft.,  even  in  sandy  soil  do  not,  as  a  rule, 
require  bracing.  Saturating  the  soil  with  water  will  often  enable 
sand  banks  tc) ,  stand  up  for  jsome  little  time.  Trenches' ovei-' 4 
ft.  in  depth  usually  require  bracing.  The  change  of  moisture  con- 
dition of  the  exposed  soil,  as  well  as  the  load  imposed;' by  the  ex- 
cavated material  and  passing  laborers,  is  apt  to  cause  a  trench 
to  cave,  no  matter  how  solid  it  looks  when  first  excavated. 
;_rThe  simplest  form  of  bracing,  suitable  for  trenches  of  from  4 
to  7  ,ft.  in  depth,  consists  of  a  board  placed  horizontally  along 
CEich  wall  of  the  trench.  These  boards  are  held  against  the  trench 
banks  by  braces  wedged  between  them.  Deeper  trenches  require 
more  elaborate  protection.  „The  entire  wall  of  the  trench  must  be 
protected  either  by  sheeting  set  in  place  as  soon  as  the  excavation 
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Fig.  25.     Vertical  Sheeting  and  Extensible  Braces. 
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is  completed,  or  by  sheet  piling  which  is  driven  ahead  of  the  ex- 
cavation. Sheet  piling  Is  always  driven  vertically,  but  sheeting 
may  be  placed  either  vertically  or  horizontally.  Sheeting  and 
sheet  piling  are  of  timber  or  steel.  For  timber,  i  in.  should  bo 
the  minimum  thickness.  Sheet  piling  of  2  x  8-in.  stuff  is  usu- 
ally the  most  satisfactory. 

Sheeting  should  be  placed  in  direct  contact  with-  the  bank  which 
should  be  trimmed  to  bear  evenly  against  it.  If  sheet  piling 
is  driven  ahead  of  the  excavation,  the  safety  of  the  trench  is  as- 
sured. Sheet  piling  has  a  better  bearing  against  the  bank  than 
other  forms  of  bracing,  but  its  greatest  point  of  superiority  is 
that  it  can  be  driven  below  the  depth  of  excavation  where  it  helps 
cut  off  the  flow  of  wat,er  and  where  the  unexcavated  material, 
holding  it  apart,  takes  the  place  of  bracing.  This  gives  the  la- 
borers an  unobstructed  place  to  work  in. 

Horizontal  sheeting  is  not  recommended  except  under  obstruc- 
tions which  make  the  use  of  vertical  bracing  impossible. 

Cost  of  Wood  and  Steel  Sheeting.  The  cost  of  sheeting  tranches 
depends  upon  several  factors:  (1)  The  nature  of  the  ground; 
(2)  the  size  of  the  trench;  (3)  the  methods  pursued  in  driving 
and  pulling;  (4)  the  kind  of  material  used  for  sheeting  (wheiJier 
wood  or  steel)  ;  (5)  the  type  of  braces  Used ;  (6)  the  difficulty 
experienced  in  driving;  (7)  the  skill  of  the  workmen;  and  (8)  the 
speed  with  which  the  excavation  proceeds. 

The  following  was  published  in  Engineering  Record,  May  23, 
1915.  The  work  was  the  construction  of  narrow  sewer,  drain 
and  water  pipe  trenches,  8  to  15  ft.  deep,  in  soil  of  glacial  origin. 
The  nature  of  the  ground  varied  from  very  sandy  to  fairly  firm 
soil,  and  the  amount  of  sheeting  and  bracing  required  varied  ac- 
cordingly. Some  bracing  was  used  at  all  times. 
•  The  sheeting  used  was  either  2  x  8-in.  lumber  or  Wemlinger  •; 
corrugated  steel  piling,  and  the  bracing  was  3  x  9-in.  lumber  and 
Dunn  extensible  braces.  At  the  beginning  of  the  work,  400  pieces 
of  Wemlinger  steel  piling,  10  ft.  long,  and  about  5,000  ft.  of 
2  X  9-in.  long-leaf  yellow  pine  planking -were  purchased.  The  steel 
piling  cost  28  ct.  per  sq.  ft.  and  the  lumber  about  $35  per  M. 
At  the  end  of  one  season  the  lumber  had  been  used  up,  but  the 
steel  piling  was  in  first  class  shape  and  was  used  during  several 
successive  seasons  although  subjected  to  hard  usage  for  purposes 
other  than  trenching. 

In  trenches  averaging  9  ft.  deep  3  men  averaged  70  ft.,  of  trench 
sheeted  solid  with  wood  per  10-hr.  day.  In  firm  sand  the'  average 
was  100  ft.,  but  in  caving  sand  it  was  30  ft.  a  day.  The  same 
gang  removed  the  sheeting  at  the  rate  of  210  ft.  of  trench  per 
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Fig.  26.    Horizontal  Sheeting  arid  Extensible  Trench  Braces. 
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day.     When  the  sheeting  was  not  solid,  but  spaced  3  to  6  ft.  apart, 
3  men  averaged  150  ft.  of  trench  braced  per  day. . 

Using  steel  sheeting  3  men  averaged  60  ft.  of  trench  (11  ft. 
deep)  sheeted  per  day.  In  pulling  this  sheeting  with  a  differ- 
ential block,  2  men  averaged  45  ft.  of  trench  per  day,  the  trench 
being  filled  to  i  depth  of  6  ft.  before  pulling. 

In  some  work  in  Peoria,  111.,  the  engineer  for  the  contractors 
kept  close  account  and  found  that  in  trenches  from  8  to  16  ft. 
deep  in  sand  with  2x8  sheeting  and  6x6  braces  of  hemlock, 
the  sheeting  cost  in  place  and  pulled  after  use,  ready  to  use 
again,  from  10  to  25  ct.  per  lin.  ft.  of  trench.  The  excavating  and 
back  filling,  including  contractors'  profit,  cost  from  21  et.  per 
ft.  for  trench  less  than  8  ft.  deep  to  76  ct.  for  trench  14  to  16 
ft.  deep. 

Cost  of  Driving  Sheet  Piles. .  In  Municipal  Engineering,  Vol. 
xxi,  p.  409,  1901,  Emmett  Steece  says  that  the  cost  of  driving 
sheet  piles  is  subject  to  greater  variation  than  round  piles  in  soft 
soil  and  will  vary  from  5  to  12.5  ct.  in  trenches  less  than  10  ft. 
and  from  25  to  75  ct.  per  ft.  in  trenches  between  10  and  20  ft. 
in  depth  for  pipe  sewers,  and  increasing  slightly  with  the  size 
of  pipe.  For  larger  trenches  the  cost  increases  rapidly  with  the 
width  and  depth.  A  trench  25  ft.  deep  and  16  ft.  wide  costs  about 
$2.75  per  ft.  to  sheeting  for  driving  and  removing. 

The  Cost  of  Driving  by  Pile  Driver.  Victor  Windett  gives  the 
following  in  Engineering  and  Contracting,  June  14,  1911. 

In  alluvial  soil  2x  12  in.,  14  ft.  and  3x12  in.,  24  ft.  sheetSg 
was  driven  by  a  2,000-lb.  drop-hammer  pile-driver.  No  difficulty 
was  experienced  in  sheeting  150  ft.  of  trench  per  day.  The  lum- 
ber was  delivered  along  the  line  of  the  trench  by  teams.  The 
pile-driver  crew  consisted  of  9  men. 

The  cost  of  preparation  of  plain  ordinary  trench  sheeting  is  as 
follows : 

467  pieces,  2x8  in.,  12  ft.  and  14  ft.  trench  sheeting,  totaled 
10,900  ft.  B.M.,  and  the  labor  cost  of  pointing  and  trimming  the 
top  was  $2.60  per  1,000  ft.  B.M.,  or  6  ct.  per  pile,  labor  being  2" 
ct.  per  hr. 

For  steam-shovel  work,'  as  at  Hegewisch  in  sand  a  light  pile- 
driver  was  used  with  two  hammers  of  1,200  lb.  each  (see  Fig. 
27 ) .  The  sheeting  used  was  triple  lap.  The  center  piece  was 
2  X  10  in.  X  4  ft.,  with  two  1  x  4-in.  x  12-ft.  side  pieces,  made  up 
for  a  2-in.  tongue  and  groove.  In  a  9-hr.  day  240  pieces  of  sheet- 
ing could  be  driven  easily  by  the  crew  of  9  men,  at  a  labor  cost 
of  10  ct.  per  piece. 

The  sheeting  was  pulled  after  the  trench  was  partly  backfilled, 
by  a  double  drum,  double  cylinder  engine  on  a  platform  some- 
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what  similar  to  the  pile-driver  but  substituting  a  hinged  frame 
for  the  leads.  A  %-in.  chain  and  %  in.  cable  were  used  fbr  the 
lines.  There  were  two  lines,  one  for  each  side  of  the  trench. 
This  machine  would  pull  sheeting  for  100  ft.  of  trench  in  2  hr. 
The  crew  consisted  of  an  engineman,  winchman,  hooker-on  and 
sheeting-catcher  to  land  the  sheeting  on  the  bank  within  reach 
of  a  team. 

The  wear  and  tear  on  the  gheeting  was  very  small,  as  far  as 


Fig.  27.     Sheet  Pile-Driver  with  Double  Leads  for  Trench  Work 


the  2  X  10-in.  pieces  were  concerned.  They  were  used  nine  times 
and  then  made  into  bottoms  for  catch  basins.  The  lx4-in.  strips 
required  quite  frequent  renewal.  Possibly  it  might  have  been 
cheaper  to  use  2-in.  lumber  instead.  This  sheeting  was  triple  lap, 
middle  piece,  2  by  12  in.,  14  ft.  long.  Side  pieces,  1  by  4  in.,  10 
ft.  long.  732  pieces  (34.5  ft.  B.  M.  each).  Labor  making  up 
(including  pointing  and  heading  to  top  width  of  8  in.)  at  31 
ct.  per  hr.,  cost  9.3  ct.  per  piece  or  $2.60  per  1,000  ft.  B.  M. 
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The '  stringers  used  were  generally  3x12  in.  or  4x12  in.  and 
16  ft.  in  length  of  long  leaf  yellow  pine. 

Braces'  were  generally  6  x  6-in.  yellow  pine.  In  Gary,  Ind., 
where  the  country  was  covered  by  a  growth  of  various  oaks, 
mainly  small  trees^  many  braces  were  cut  from  the  standing  tim- 
ber. These  braces  were  usually  3  to  5  in.  in  diameter,  Dunn 
trench  screws  are  highly  advantageous  on  account  of  ease  of 
placing  and  removing  the  braces  and  of  keeping  them  tight. 

Steel  Sheeting  at  Watertown,  N.  Y.  Engineering  and  Con- 
tracting, Nov.  15,  1911,  gives  the  following: 

Wemlinger  corrugated  steel  piling  was  used  for  sheeting  sewer 
pipe  trenches  at  Watertown,  N.  Y.  The  average  cut  was  15  ft. 
The  soil  was  sand  to  a  depth  of  10  ft.,  and  a  wet  sand  and  gravel 
beneath  that  point.  Four  hundred  sheets  of  1,^-in.  piling,  each 
1  ft.  wide  by  10  ft.  long,  were  used.  A  650-lb.  steam  hammer, 
furnished  with  power  from  a  road  roller,  drove  the  piling.  The 
trench  was  first  excavated  to  a  depth  of  5  ft.  Three  men  then 
placed  the  piling  upright  at  each  side  of  the  trench,  the  rate  of 
placing  being  32  sheets  in  1.5  hr.  These  sheets  were  then  driven 
to  grade  by  the  hammer  hung  from  an  A-frame,  at  the  rate  of  1 
sheet  (Jriven  5  ft.  in  35  sec.  Including  the  time  required  for 
moving  the  hammer  and  A-frame,  the  rate  of  driving  was  7  ft.  of 
trench  sheeted  per  hour.  Spruce  rangers,  4  x  6  in.  x  16  ft.  long 
were  used.     Braces  were  placed  7  ft.  apart. 

Removing  Sheeting.  In  pulling  sheeting  and  sheet  piles,  vari- 
ous methods  are  used.  The  lower  waling  pieces  are  taken  out  as 
the  trench  is  backfilled.  Then  after  50%  or  more  of  the  back- 
filling is  done  the  sheeting  boards  are  drawn,  although  in  some 
exceptional?  cases  the  sheeting  is  left  in  place.     Chains,  clamps 


Fig.  28.     Device  for  Pulling  Sheet  Piles. 
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and  grabs  of  various  kinds,  are  used  to  pull  the  boards.  Der- 
ricks and  cableways  are  used  as  the  power  to  pull  them,  although 
they  are  often  pulled  by  hand.  Fig.  28  shows  a  small  tool  used 
for  pulling  sheet  piles.  It  can  be  used  with  a  lever,  operated  by 
men,  with  a  derrick  or  a  cableway.  It  fits  around  the  pile  and  as 
the  pull  is  made  it  clamps  itself -to  the  board  so  that  it  seldom 
slips.  If  more  than  one  pull  is  needed  to  take  out  the  pile,  the 
tool  releases  itself  as  soon  as  the  pull  is  stopped  and  it  slides 
down  the  board,  taking  a  new  hold  the  instant  power  is  on  it. 
Besides  being  simple  >in  operation,  this  tool  does  not  injure  the 
boards,  as  do  chains,  clamps  and  grabs. 

A  Machine  for  Pulling  Sheet  Piling.  Engineering  and  Con- 
tracting, Dec. '6,  1911,  gives  the  following: 

This  pile  puller.  Fig.  29,  is  the  invention  of  R.  J.  Blackburn 
and  was  used  on  the  Glaise  Creek  sewer,  Louisville,  Ky.  The 
top  of  the  fall  line  of  the  derrick  was  attached  to  the  top  of  the 
tripod  while  the  closing  line  passed  around  the  special  blocks 
as  shown.  With  this  rig  an  average  of  30  twenty-foot  steel  piles 
were  pulled  per  hour.  The  labor  force  required  consisted  of 
three  men  and  the  derrick  crew. 

In  the  construction  of  some  sewers  in  St.  Louis,  Missouri,  steel 
sheet  piling  was  driven  to  a  depth  of  40  ft.  and,  after  excavating 
nearly  to  quicksand,  bulkheads  of  plank  piling  were  built  across 
the  trench  about  every  20  ft.  -  These  bulkheads  were  24  ft.  high 
and  were  composed  of  timbers  8  in.  thick.  When  the  completed" 
masonry  of  the  sewer  neared  one  of  these  bulkheads  it  was  not 
feasible  to  pull  the  plank  piling  imtil  the  fill  had  been  at  least 
partly  completed.  The  heavy  cross  timbers,  in  addition,  were 
partly  braced  by  the  piling  and  had  to  be  left  in  order  to  support 
the  steel  piling  in  the  sides. 

Cutting  off  Piling  with  Pneumatic  Augers.  The  following 
method  is  given  in  Engineering  News,  Aug.  6,  1914.  The  first 
attempt  to  cut  off  the  piling  was  with  an  axe,  but  this  method 
was  -found  to  be  extremely  unsatisfactory.  .  Large  wood  chisels 
fitted  to  pneumatic  hammers  were  next  tried  without  satisfactory 
results.  A  114-in.  wood  boring  auger  operated  by  a  "  Little 
David  "  compressed  air  motor  was  tried,  and  found  to  be  a  prac- 
tical means  for  cutting  these  thick  planks.  About  seven  1^-in. 
holes  were  required  to  sever  a  pile,  and  the  time  consumed  in  bor- 
ing each  of 'the  holes  8  in.  long  was  from  20  to  25  sec.  The  en- 
tire time  consumed  in  making  two  cuts  across  the  trench  was  be- 
tween 1.5  and  2  hr. 

Driving  Wakefield  Sheet  Piling.  The  following  is  given  in 
Engineering  News,  May  28,  1903.  The  construction  of  inter- 
cepting   sewers   for   the    purpose   of    diverting    sewage    into    the 
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Chicago  Drainage  Canal  was  undertaken  in  190Uby;the  city,  em- 
ploying day  labor,  and  having  all  work  done  under  the.  super- 
vision of  its  own  engineers.  !   '  ~ 

The  following  relates  to  work  done  on   Section  G,  which  ex- 


.'     »'  iilV'fel:%*Si:i!.^iS^ 


Fig.  29.     Blackburn  Pile  Puller.     Closing  Line  Pulling  Up.  a  20-Ft. 

Pile. 


tended  from  39th  to  51st  streets,  and  on  Section  H,  between  Slst 
and  63d  streets.  As  this  was  the  city's  first  experience  in  con- 
struction work  on  a  large  scale,  it  was  necessary  to  secure  an 
entirely  new  plant.  Accordingly^  the  city  built,  with  its  own 
labor,  a  turntable  drop'hammer  pile  driver,  for  use  on  Section 
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G.  The  driver  had  a  hammer  weighing  3,000  lb.,  and  was 
equipped  with  a  7  x  10-in.  double-drum  hoisting  engine  and  a 
duplex  steam  pump  for  jetting.     The  machine  cost  $2,200. 

As  the  sewer  for  a  distance  of  about  2,500  ft.  would  be  under 
the  shoal  water  of  the  lake,  and  for  the  rest  of  the  distance  very 
close  to  the  water's  edge,  it  was  necessary  to  use  sheeting,  which 
would  be  practically  water  tight.  Accordingly,  Wakefield  sheet 
piling  was  used,  the  lumber  employed  in  its  construction  being 
2  X  12-in.  X  12'ft.,  Norway  and  Georgia  pine,  surfaced  one  side 
and  one  edge.  For  most  of  the  work  Southern  pine  was  used.  In 
practice,  however,  it  was  found  that  Norway  pine  would  stand 
50%  more  blows  under  a  drop  hammer;  and,  in  consequence, 
Norway  sheet  piling  was  used  where  there  was  difficult  driving. 

About  12  ft.  below  city  stratum  the  clay  line  was  found.  Im- 
mediately above  this  was  a  layer  of  fine  blue  sand  mixed  with 
shot  clay.  This  stratum  when  loose  and  wet  acts  very  much  like 
quicksand.  Above  this  stratum  was  ordinary  lake  sand.  The 
sand  was  very  solid  and  compact,  owing  to  the  action  of  the 
waves  of  the  lake.  But  with  the  exception '  of  gravel  spots  the 
seepage  was  small,  considering  the  nearness  to  the  lake.  The  first 
sheeting  was  driven  nearly  to  the  bottom  of  the  proposed  excava- 
tion; but  later  it  was  found  that  sheeting  driven  4  to  5  ft.  into 
the  clay  would  do  sufficiently  well.  In  order  to  have  the  sheeting 
left  to  a  sufficient  height  above  the  line  of  the  lake  for  protection 
against  high  water,  20  ft.  of  material  was  used  ^with  some  ex- 
ceptions. 

In  the  bracing,  10  x  12-in.  x  22-ft.  stringers  and  10  x  10-in.  x 
20-ft.  braces  were  used.  Three  sets  of  stringers  and  braces  were 
found  sufficient  for  most  of  the  distance.  In  some  places  it  was 
necessary,  on  account  of  bad  ground  and  swelling  clay,  to  rein- 
force both  stringers  and  braces.  Throughout  the  entire  work,  2-in. 
Dunn  screw-braces  were  used. 

In  construction,  the  top  set  of  stringers  and  braces  followed 
the  scraping  and  leveling.  The  distance  between  the  sheeting 
was  22  ft.  for  the  16-ft.  conduit  and  21%  ft.  for  the  15l^-ft.'  con- 
duit. A  clearance  of  about  9  in.  between  the  sheeting  and  sewer 
brickwork  was  allowed. 

In  the  operation  it  was  found  practical  to  swing  the  pile  driv- 
ing apparatus  about  once  every  day.  Ordinarily  about  50  ft.  of 
sheeting  in  each  direction  was  driven  on  one, side,  and  then  50  ft. 
in  each  direction  on  the  ^  other .  side.  A  water  jet  for  jettipg  the 
clay  was  used  with  marked  success.  Ordinarily,  after  jetting  to 
the  clay  and  grtting  the  piling  into  position,  four  or  five  blows 
of  the  hammer  were  sufficient.  In  many  cases  isolated  rocks, 
about  11^  ft.  in  their  largest  dimensions,  were  found  from  2  to 
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8  ft.  below  the  surface.  These  were  disposed  of  by  jetting  a 
large  hole  beside  .them.  The  piles  were  held  in  place  during  driv- 
ing by  a  %-in.  buck  line,  attached  to  the  front  drum  of  the^hoist- 
ing  engine,  and  leading  through  the  sheaves  attached  to  the  pile 
driver  and  sheeting  in  place,  to  and  around  the  pile  to  be  driven. 

In  making  each  Wakefield  pile,  50-penny  wire  spikes  were  used. 
Half-inch  carriage  bolts  were  tried  as  fastingsy  but  it  was  found 
that  the  carpenters  could  make  at  least  twice  the  number  of 
sheet  piles  when  50-penny  wire  spikes  were  used.  Eight  to  ten 
spikes  were  used  per  pile.  The  pile-driving  crew  followed  the 
gang  setting  the  top  braces.  On  straight  work  at  least  it  was 
planned  to  have  a  distance  of  about  400  ft.  between  the  pile 
driver  and  the  excavating  derrick,  because  when  the  driving  was 
too,  near  there  was  trouble  with  seepage  water  from  the  jet. 

In  ordinary  driving,  the  crew  averaged  about  90  pieces  of  sheet- 
ing, iper  8  hr.  This  is  equivalent  to  45  ft.  of  trench  sheet  piled. 
-The  largest  day's  work  was  120  pieces  of  sheeting  placed.  On 
some  days,  however,  when  such  obstructions  as  piers  were  en- 
countered, not  more  than  12  pieces  of  sheeting  were  driven;  this 
occurred  once  perhaps  in  300  to  400  ft. 

The  pile  driving  crew  consisted  of  the  following: 

Per  day 

1  foreman $  4.16 

1  engineman    4.80     ' 

1  fireman' 2.50 

2  carpenters  at  $3.60    7.20 

4  laborers  at  $2,50   10.00 

1  jet    man    '. 3.00 

1  ladder  man    3.00 

2  wench  men  at  $3,00   6.00 

Total  labor  cost  per  day  $40.66 

As  about  45  ft.  of  trench  was  sheetpiled  per  8  hr.,  the  labor 
cost  per  linear  foot  of  sewer  amounted  to  90  ct.  The  labor  cost 
per  pile  was  45  ct.  The  bill  of  materials  required  for  90  ft.  of 
piling  (the  avearage  amount  placed  in  an  8-hr.  day)  was  as 
follows : 

10.8  M.  ft.  B.  M.  2xl2-in.  x20  ft,  timber  at  $22 $237.60 

900  spikes,  at  $2.65  per  100  lb, 23  85 

1  ton  coal  for  pile  driver  2.90 

Total $264.35 

Adding  the  total  labor  cost  of  $40.66  and  the  total  cost  for 

material,  etc.,  $264.35,  we  have  $305  as  the  total  cost  of  90^  ft. 

of  piling,  or  90  piles.     From  the  above  it  will  be  seen  that  the 

cost  per  pile  amounts  to   $3.38,  of  which  $0.47   was  for  labor. 

The  labor  cost  per  1,000  ft.  B.  M.  of  piling  was  about  $3.90. 
Another  pile  driver  was  built  by  the  city  for  the  construction  of 

the  sheet  piling  in  that  section  of  the  intercepting  sewer  between. 
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51st  and  73d  streets,  known  as  Section  H.  This  machine  was 
also  constructed  on  a  turntable  and  could  be  swung  from  one  side 
of  the  trench  to  the  other.  In  order  to  secure  a  good  foundation 
bearing  for  the  runways  and  rollers  the  span  of  the  lower  bed 
was  made  34  ft.  The  driver  was  equipped  with  a  7  x  10-in.  double- 
drum  engine,  had  40-ft.  leads  and  a  2,500-lb.  hammer.  A  jet 
pump,  with  water  tank,  20  ft.  jet  tube  and  other  appliances  wer^ 
among  the  equipment. 

As  in  the  first  case,  the  sheeting  was  of  the  ordinary' Wake- 
field pattern,  made  up  of  S  x  12-in.  plank,  fastened  together,  how- 
ever, by  60-penny  spikes.  The  method  of  driving  this  sheeting 
was  as  follows:  The  top  set  of  stringers  and  brafces  were  put  in 
place  for  100  ft.  to  200  ft.  in  advance,  and  about  18  in.  below 
the  surface  of  the  street;  a  second  set  of  stringers,  parallel  with 
the  street,  made  up  of  4  x  12-in.  plank,  was  put  in  about  5  iti. 
outside  of  the  main  stringers  and  on  the  same  level  as  those  in- 
side, for  the  purpose  of  keeping  the  sheeting  in  line.  All  braces 
and  timbers  were  then  covered  with  sand  to  prevent  their  being 
washed  out  by  the  water  jet.  The  sheeting  used  was  18  ft.,  20 
ft.,  22  ft.  and  24  ft  long,  depending  on  the  depth  of  the  clay.  ' 
The  top  of  the  sheeting  was  driven  to  about  1  ft.  below  the 
street  grade,  and  the  lower  end  was  from  2  to  4  ft.  in  the  clay. 
For  each  pile  a  hole  was  jetted  to  the  clay  line,  and  as  soon  as 
the  jet  tube  was  pulled  out,  a  pile  was  dropped  into  place  and 
pulled  over  the  tongue  of  the  previous  pile.  Excellent  alignment 
was  obtained  by  using  a  "  buck  line "  to  hold  the  sheetini  in 
place  while  being  driven.  In  this  case  the  "iuck  line"  consisted. 
of  an  old  cable  having  a  loop  at  one  end  to  go  over  the  head  of 
the  pile,  the  other  end  of  the  cable,  after'  passing  through  a  couple 
of  snatch  blocks,  being  attached  to  the  hoisting  engine. 

From  75  to  110  piles  were  driven  in  8  hr.,  the  number  depend- 
ing somewhat  on  the  character  of  the  ground;  85  piles,  however, 
were  considered  a  fair  day's  work. 

The  pile  driving  crew  and  wages  were  as  follows  per  day: 

1  foreman $4.16 

1  jet  man    3.50 

2  ladder  men    5,00 

2  wench   men    ' 6.00 

1  pileman    _ 2.75 

1  engineman " 4  80  > 

1  fireman     2.75 

4  laborers    10.00 

2  carpenters     ■ '"O 

Total  labor  per  day  $47.36 

An  average  of  85  piles  per  day  were  driven,  which  is  equivalent 
ta  about  42.5  ft.  of  trench  piled.  This  was  at  the  rate  of  $1.11 
per  ft.-  of  trench  for  the  labot  cost.     The  labor  cost  per  pile  was  55 
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ct.     The  bill  of  material  required  for  85  ft.  of  piling  was  as  fol- 
lows: 

10.2  M.  ft.,  2-in.  X  12-m.  X  20  ft.  timber  at  $25  $255.00"!    '•• 

850  spikes,' at  $2.65  per  100  ^jf^'     i'l  i 

1  ton  coal  for  pile  driver __f_]l..     ,  ., 

Total   materials    $280.42 

From  the  above  it  will  be  seen  that  the  total  cost  for  material 
and  driving  was  $3.85  for  each  pile,  of  which  $0l55  was  for  labor. 
The  labor  cost  for'  1,000  ft.  B.  M.  of  piling  was  about  $'4.58. 

Trench  In  Huck  Soil,  in  excavating  the  foundation  of  the 
Manchester  Ship  Canal  grain  elevators,  through  very  soft  soil, 
great  diflficulty  was  encountered.  This  work  is  described  by  G.  G. 
Lynde  in  the  Proceedings  of  the  Institution  of  Civil  Engineers, 
vol.  137  (1898-99).  The  upper  14  to  18  ft.  of  the  soil  consisted 
of  a  black  mud  which  had  been  deposited  by  previous  dredging 
work.  About  this  "  sludge  "  red  sand  and  sniall  lumps  ot  sand- 
stone had  been  spread,  to  a  depth  of  1.5  to  2.5  ft.  The  ground 
underlying  the  sludge  consisted  of  an  alluvial  deposit,  a  hed  of 
blue  silt,  4  ft.  thick,  being  found  at  a  depth  of  1 8  ft.  below  the 
upper '  ground  surface  covering  a  bed  of  wet  running  sand,  3 
ft.  thick,  which  lay  on  coarse  sand  and  gravel.  The  black  mud 
had  naturally  the  consistency  of  butter,  and  in  this  state  was  aa 
impervious  to  water  as  clay  puddle,  but  when  mixed  and  stirred 
with  water,  as  in  the  bottom  of  the  trenches,  it  became  thin 
black  mud. 

As  the  entire  excavation  was  made  by  steam  traveling-cranea 
loading  into  oars  hauled  by  loconiotives,  the  weight  of  machinery 
caused  a  settlement  of  the  ground  in  the  immediate  neighborhood 
and  a  corresponding  rise  in  the  bottoms  of  the  trenches  and  else- 
where. A  few  of  the  trenches  in  fairly  good  ground-  were  sunk  by 
poling  boards  in  the  ordinary  way,  bjxt  in  other  trenches  no  prog- 
ress could  be  made,  the  bottom  rising  as  fast  as  it  was' excavated 
and  the  timbering  and  surrounding  ground  sinking  at  the  same 
time.  , 

Certain  trenches  8.5  ft.  wide  and  from  23  to  26.5  ft.  deep  were 
excavated  by  the  following  method.  The  sludge  was  17  ft.  deep 
with  a  somewhat  hardened  crust,  and  it  was  decided  to  use  a 
sheeting  plank  or  runner  2.5  in.  thick  by  7  in.  wide,  sharpened 
to  a  chisel  point,  and  driven  with  the  bevelled  side  towards  the 
trench,  so  that  the  tendency  of  this  sheeting  plank  was  to  incline 
outwards.  The  depth  of  the  trench  would  have  required  long 
and  unwieldy  sheeting  plank  had  they  been  driven  from  the  sur- 
face to  the  full  depth,  so  an  excavation  was  first  made  in  the 
hardened  crust  and  sheeting  6  ft. ,  long  was  first  placed.  Two 
frames  were  set,  each  consisting  of  2  walings  of  9  x  3-in.  timber 
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12  ft.  long,  with  3  struts  8  in.  square  capped  with  1-in.  boards 
as  shown  in  Fig.  30.  Runners  14  ft.  long  were  driven  inside  these 
walihgs  into  the  solid  ground  by  a  small  hand-operated  weight 
of  300  lb.,  as  shown  in  Pig.  30. 
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TOP  FRAMt  \t\ 
PLACE 

Fig,  30.     Top  Frame  in  Place  and  Runners  Pit9hed. 


The  excavation  was  then  carried  down  with  frames  of  3  x  9-in. 
walings  and  8-in.  struts  inserted  every  2  ft.  deep,  as  shown  in 
Fig.  31. 


RUNNERS  DRIVEN 


EXCAVATION   REMOVED 
FRAMES  IN  PLACE 


Fig.  31.    Runners  Driven,  and  Excavation  Removed  Frames  in 
'  Place. 
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Curious  effects  were  met  with  during  the  excavation  of  these 
trenches.  The  bottoms  of  the  trenches  were  '  continually  rising 
and  a  corresponding  fall  in  the  level  of  the  surrounding  ground 
took  place.  The  ground  sank  as  Inuch  as  3  ft.  under  the  traffic 
of  the  locomotives  and  cars.  Thus  the  boards  on  the  loaded  side  of 
the  trench  sank  while  the  timber  on  the  inner  side  generally  re- 
tained its  position,  endangering  the  whole  structure.  The  strut's 
or  braces  were  thus  transformed  into  diagonals,  and  to  counteract 
this  motion  opposite  diagonals  were  inserted,  as  shown  in  Fig. 
32. 

Fig.  9. 


Scale.  1  Inch  =  12  fleet. 

Pig.  32.     Showing  Trench  Distorted  by  Settlement  and  with 
Counter  Rakers. 


O'Rourke  Hethod  of  Excavating  Deep  Cuts  to  Neat  lines. 
John  F.  O'Rourke  has  patented  and  used  successfully  on  subway 
construction  in  Brooklyn,  N.  Y.,  the  method  shovim  in  PMg.  33. 
Engineering  cmd  Contracting,  June  7,  1916,  gives  the  patent  speci- 
fications. The  general  method  of  procedure  is  sufficiently  clear 
without  description. 

The  Bottomley  Trench  Brace.  Engineering  and  Contracting, 
Dec.  11,  1912,  gives  the  following: 

An  improved  fitting  for  timber  braces  to  be  used  in  shoring  up 
trenches  in  bad  ground  has  just  been  put  on  the  market  by  the 
Bottomley  Machine  Co.  of  Alliance,  Ohio.  Fig.  34  shows  the  fit- 
ting and  the  timber  required  in  its  utilization. 

This  fitting  renders  unnecessary  the  use  of  solid  4  x  4-in., 
6  X  6-in.,  and  8  x  8-in.  timbers  for  braces.     In  using  it  two  pieces 
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of  2  X  4-in.,  2  x  6-in.,  or  2  x  8-in.  timbers  are  sawed  the  same 
length.  The  fitting  is  then  fastened  to  the  pieces  selected  by 
means  of  lag  screws.     The  brace  so  formed  is  made  rigid  by  spik- 


Fig.   33.     Typical  Section'  Showing  Method  of  Excavating  Deep 
Cuts  with  Vertical  Sides. 

ing  two  short  pieces  of  the  same  scantling  as  the  long  pieces  be- 
tween the  latter.  The  small  block  at  the  end  adjacent  to  the  cast- 
ing may  be  set  clear  of  the  screw  or  hollowed  out  to  box , the,  screw 


'  EngiContg. 
Fig.  34.     The  Bottomley  Trench  Brace  and  Built-Up  Timber. 

in.     Similarly,  if  desired,  instead  of  using  the  two  small  blocks 
the  timber  can  be  built  in  solid.     In  that  case  the  screw  is  boxed 

in.  ,..',,■         i..^ 


862  HANDBOOK  OF  EARTH  EXCAVATION 

This  device  enables  the  contractor  to  utilize  old  but  solid  tim- 
ber which  has  been  used  for  other  purposes  on  the  work.  This 
effects  a  considerable  saving  in  cost  of  timber  over  buying  solid 
stuff.  Moreover  the  casting  can  be  fitted  to  the  2-in.  timber  in 
much  less  time  than  that  required  to  fit  a  cast  head  on  a  solid 
stick. 

The  easting  is  made  of  malleable  iron  threaded  so  as  to  engage 
the  screw.  The  screw  is  1%  in.  in  diameter  and  is  threaded  for 
a.  length  of  14  in.  The  vice  handle  is  1  x  9  in.  The  lag  screws 
required  for  fastening  the  casting  to  the  timber  are  furnished 
with  it.  , 

The  Kalamazoo  Extensible  Trench  Brace,  made  by  the  Kala- 
mazoo Foundry  and  Machine  Co.  of  Kalamazoo,  Mich.,  is  shown 
in  Fig.  35. 


Fig.  35.     Kalamazoo  Extensible  Trench  Brace. 

methods  and  Costs  of  Trench  Pumping.  The  cost  of  removing 
water  from  trenches  is  sometimes  very  high.  Nevertheless,  no 
matter  how  expensive  the  removal  of  water  may  be,  it  is  usually 
less  than  the  added  cost  of  excavation  and  pipe  construction  in 
partially  unwatered  trenches.  It  is  almost  impossible  to  get 
laborers  to  work  efficiently  in  wet  ground,  and  it  is  absolutely 
impossible  to  get  masons  to  do  a  proper  day's  work  under  such 
conditions. 

There  are  three  general  methods  of  unwatering  trenches :  ( 1 ) 
By  pumping  the  water  directly  from  its  location  in  the  trench  j 
(2)  by  leading  it  from  the  place  where  work  is  being  carried  on 
to  a  natural  or  ariificial  sump,  by  means  of  a  drain;  and  (3) 
by  unwatering  the  site  by  "  bleeding." 

Direct  Pumping.  Where  the  flow  of  water  does  not  exceed  50 
gal.  per  minute,  one  man  with  a  diaphragm  pump  will  keep  the 
trench  clear.  Where  the  flow  does  not  exceed  75  gal.  per  minute  a 
two-man  pump  is  required.  Edson  diaphragm  pumps,  with  20  ft. 
of  hose  and  strainer,  cost  $48  for  the  one-man  size  and  $70  for 
the  two-man  size.  For  flows  of  60  to  80  gal.  per  minute,  a  dia- 
phragm pump  operated  by  a  gasoline  engine  is  very  efficient.  It 
can  be  started  in  the  morning  and  given  little  or  no  attention  for 
the  remainder  of  the  day. 

For  removing  greater  quantities  of  water  centrifugal  or  recipro- 
cating pumps  are  generally  used.  Emmett  Steece  gives  the,  pre- 
war cost  of  a  centrifugal  pump  and  its  operation  as  follows: 
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Centrifugal  pump  with  5-in,  suction   $110 

Timber    framing    6 

80-ft  of  9-in.  belt : 36 

6-hp.  gas  engine    350 

Total   cost    .....'. $502 

This  engine  uses  5.5  gal.  of  gasoline  per  lO-hr.  day. 

Pumping  for  Sewer  Construction  in  New  Orleans.  Victor 
Windett  gives  the  cost  in  1911  of  pumping  with  an  8-in.  centri- 
fugal pump.'  The  work  was  the  construction  of  a  sewer  in  New 
Orleans.  The  pump  was  in  constant  service  for  417  days.  While 
steam  was  kept  at  operating  pressure  continuously,  the  pumping 
was  intermittent  during  each  24  hr.  The  inflow  of  water  required 
pumping  for  a  total  of  12  hr.  each  day.  The  labor  charge  was 
low,  the  men  being  paid  $73.50  each  per  month,  or  20  ct.  per  hr. 
There  was  one  man  to  each  12-hr.  shift  tending  the  boiler  and 
pump.     The  daily  cost  of  operation  was  as  follows: 

Ooal,  1.275  tons  at  $3  per  ton %  3.80 

Oil  for  lubrication  and  illumination 0.25 

Supplies     0.15 

Water    tax     0.33 

■Repairs  to  pump  and  boiler  0.93 

Depreciation     0.75 

Wages 4.80 , 

Total    $11.01 

Overhead   bjirden 1.34 

Total  daily  expense   $12.35 

The  Pulsometer  Fump.  This  pump  has  been  used  for  trench 
pumping  for  50  years.  This  pump,  while  uneconomical  in  steam 
consumption,  is  reliable,  and,  once  started,  requires  almost  no 
attention.  One  advantage  of  this  pump  is'  that  it  can  be  hung 
anywhere  in  a  trench  and  requires  no  foundation.  It  has  no 
moving  parts  except  valves  and  requires  no  lubrication.  It  is 
made  in  various  sizes  by  the  Pulsometer  Steam  Pump  Co.,  New 
York  City. 

A  Tile  Drain  for  Handling  Water.  Engineering  and  Contract- 
ing, Oct.  2,  1907i  gives  the  following: 

In  the  construction  of  a  66-in.  reinforced  concrete  sewer,  the 
material  encountered  in  excavation  was  loose  black  soil  for  a 
depth  of  24  ft.,  and  sand  and  gravel,  water  bearing  for  about  5 
ft.  at  the  bottom.  The  average  depth  of  the  trench  was  181^  ft., 
with  a  width  of  IQi^  ft-  To  handle  the  water  a  subdrain,  pump 
and  sump  were  used.  The  pipe  used  for  subdrain  .was  second 
class  and  cull  pipe,  laid  with  the  invert  30  in.  below  the  invert  of 
the  main  sewer.  Joints  were  loosely  calked  with  tufts  of  sod  in 
order  to  hold  back  the, fine  sand,  and  the  whole  covered  with 
clean  gravel  of  medium  size.    The  drain  pipe  emptied*  into  a  sump 
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at  the  lower  end  of  the  new  work,  which  was  about  18  iil.  below 
the  subdrain  grade,  in  which  was  a  6;in.  centrifugal  pump,  used 
to  discharge  the  water  over  a  dam  in  the  old  portion  of  the  sewer. 
By  this  method  it  was  possible  to  put  the  concrete, on i a  dry  bot- 
tom. It  was  found  necessary,  however,  to  run  the  pump  while 
the  invert  was  being  plastered,  and  it  was  kept  gOiiig  until  the 
plastiering  was  set,  otherwise  the  water  would  force  its  way  in 
from  thes'outside  and  cause  the  mortar  to  sloijgh  down,  leaving  the 
bottom  r6ugh  and  the  sides,  to  some  extent,  porous.  The  total 
cost  of  caring  for  the  water  was  as  follows  per  foot  of  sewer: 

Subdrain    pipe    ^  ■  ■,    f 0.33 

Labor  laying  drain  pipe    O.ib 

Handling  water O-^" 

Total  per  ft.   ?1-13 

Cost  per  eu.  yd.  of  excavation  0.116 

The  item  handling  water  includes  the  fuel,  housing  and  rental 
of  pumping  engine,  pay  of  engineraan,  also  sinking  of  two  sump 
holes  for  the  pump  and  filling  up  of  same  after  the  work  was 
done.  The  engineman  received  $2  per  10-hr.  day,  and  common 
labor  received  $1.85.  :  .   i 

Pumping  for  Sewer  at  Harrisburg,  Pa.  Engineering  Record, 
Oct.  15,  1904,  gives  the  following: 

The  main  sewers  comprised  7,600  ft.  of  reinforced  concrete  sec- 
tion 12.3  sq.  ft,  in  area,  and  7,670  ft.,  19.3  sq.  ft.  in  area. 
Trenches  were  8  and  9  ft.  wide,  and  averaged  10.5  ft.  in  depth. 
Most  of  the  work  lay  alongside  Paxton  Creek  which  was  in  flood 
several  times.  An  excessive  amount  of  water  was  everywhere  en- 
Countered.  To  handle  this  an  8-in.  underdrain  was  used  almost 
the  whole  length  of  the  work.  It  was  laid  with  open  joints,  filled 
around  with  gravel,  and  connected  with  sumps  at  the  side  of  the 
trench,  from  which  the  water  was  pumped.  These  sumps  were 
about  6  X  6  ft.  in  size  and  were  excava;ted  at  irregular  intervals  at 
the  same  time  as  the  trench  but  2  ft.  deeper.  At  some  places  it 
was  necessary  to  lay  a  double  line  of  8-in.  underdrain.  Six-inch 
direct-connected  Morris  centrifugal  pumps  were  used.  One'  pump 
was  used  for  each  section  of  the  work,  the  pump  being  moved 
ahead,  when"  necessary.  The  average  length  of  section  pumped 
was  550  ft.,  and  the  maximum  1,750  ft.  The  ground  water  level 
varied  considerably  but  averaged  6  ft.  above  subgrade.  A  typical 
section  yielded  albout  2,200  gal.  per  lin.  ft.  per  24  hr.  The  cost 
of  pumping  on  the  main  trench,  including  the  cost  of  underdrain, 
was  about  36  ct.  per  cu.  yd.  of  excavation,  or  $1.30  pe^r  lin.  ft. 
of  trench.  Co^l  cost  $3.80  per  ton.  A  fireman  attended  each 
boiler  and  a  boy  each  pump,  day  and  night. 

The  material  encountered  was  firm  clay  with  occasional  layers 
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of  gravel,  and  covered  with  various  kinds  of  top-soil.  The 
greater  part  of  the  invert  vfas  laid  on  an  underlying  stratum  of 
gravel.     Very  little  solid  rock  was  encountered.  ' 

In  the  streets  and  on  level,  dry  land;  where  possible,  a  Jackson 
hoist  was  used,  and  the  material  excavated  was  carried  on  cars 
and  dumped  on  the  completed  work.  In  deep  cuts  where  the  con- 
dition of  the  surface  did  not  permit  the  use  of  the  Jackson  hoist, 
buckets  and  boom  derricks  were  used.  In  shallow  cuts  excavation 
was  done  entirely  by  hand.  The  total  excavation  of  the  main  line 
amounted  to  54,465  cu.  yd.,  and  cost  71  ct.  per  cu.  yd.  About 
38,587  cu.  yd.  were  backfilled  at  a  cost  of  38  ct.  per  cu.  yd.  Com- 
mon labor  was  paid  15  ct.  per  hr. 

Tight  sheeting,  placed  vertically,  was  generally  required,  but 
in  shallow  cuts,  skeleton  sheeting  was  used.  Two-inch  lumber 
was  used.  The  rangers  and  cross  braces  were  of  wood.  The  sheet- 
ing cost  about  87  ct.  per  lin.  ft.  of  trench.    ■ 

Un-watering  by  Tlse  of  "  Bleeding  Points."  Otto  Gersbach  in 
Engineering  and  Contracting,  June  5,  1907,  gives  a  description 
of  a  method  used  at  Indiana  Harbor,  Indiana,  for  drying  out 
water  bearing  sand.  This  method  is  now  frequently  used  in  Wet 
material  and  is  commonly  known  as  the  method  of  "  bleeding  by 
points." 

At  Indiana  Harbor,  pipe  sewers  of  8  to  30-in.  diameter  were 
laid  in  sand  to  depths  as  great  as  21  ft.  After  excavation  had 
proceeded  until  ground  water  was  reached,  2-in.  iron  pipes,  10  ft. 
long  were  driven  down  by  the  aid  df  a  water  jet  operating  at  a 
pressure  of  25  lb.  per  sq.  in.  These  pipes  were  pointed,  and  were 
perforated  just  above  the  points,  the  perforations  being  covcre'l 
with  a  fine  wire  netting  in  jDrder  to  exclude  the  sand.  The  pipes 
were  spaced  4  ft.  apart  as  a  rule,  but  8  ft.  in  some  cases.  They 
were  driven  to  a  point  below  the  grade  of  the  sewer,  sections  2  tO' 
4  ft.  long  being  u.sed  to  lengthen  the  standard  10-ft.  section 
where  necessary.  The  pipes  were  driven  in  lines  close  to  each  side 
of  the  trench.     •  :  -  j 

The  driven  pipes  were  connected  by  short  lengths  of  hose  'to '  a 
4-in.  main  pipe  running  lengthwise  over  the  center  of  the  trdneh 
and  supported  by  plank.  The  4-iii.  pipe  was  connected  to  a 
10x6xl2-in.  duplex  pump  run  by  a  20-hp.  boiler.  Thus  the 
■trench  was  kept  dry.  Little  or  no  sheeting  was  required  as  the 
damp  sand  did  not  run.  A  row  of  planking  was  placed  at  the 
top  of  the  trench  to  keep  back  sand  that  might  be  pushed  down 
by  the  men  above. 

Excavating  Quicksand  in  Toronto.  The  methods  used  in  ex- 
cavating, sheeting  and  pumping  trenches  for  20  and  24-in.  pipe 
sewers  at  North  Toronto,  Canada,  are  described  by  George  Phclpa. 
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in  Engineering  and  Contracting,  Dec.  25,  1912.  Most  of  the  trench 
was  30  ft.  deep,  and  the  nature  of  the  material  (quicksand  and 
water  at  depths  of  16  ft.)  made  the  work  very  diiBcult  and  ex- 
pensive. Further  disadvantages  were  (1),  the  narrow  working 
space  which  prevented  the  use  of  conveying  and  backfilling  ma- 
chines,  (2)  the  great  depth  of  cut,  and   (3)   the  cold  weather. 

The  material  was  removed  from  the  trench  by  hand  in  stages. 
When  the  excavated  material  was  allowed  to  lie  for  some  time 
it  froze,  and  backfilling  was  necessarily  expensive.  Frost  wedges 
and  dynamite  were  used  to  break  up  some  of  the  material. 

The  system  of  cross  bra;ces  shown  in  Fig.  36  was  adopted  \to 
prevent  the  collapse  of  the  curbing.  Extra  diagonal  braces  were 
often  put  in  as  well,  but  even  this  did  not  always  prevent  the  set- 
tling of  the  timber  work  with, the  falling  sides.  Ihe  timbering 
consisted  of  two  settings  of  2  x  6-in.  pine,  runners,  the  top  set- 
ting being  12  ft.  deep  and  the  bottom  16  ft.  deep.  The  w^lings 
and  strjits  were  of  4  x  6-in.  pine,  and  the  cross  braces  of  2  x  6-in. 
pine.  A  uniform  width  qf  trench  was  kept  and  each  setting  of 
timber  was  16  ft.  in  length,  this  being  the  length  of  walings  used. 
The  walings  were  about  4  ft.  apart  vertically;  three  on  each  side 
for  a  top  setting  and  four  for  a^bottom  setting.  The  cross  braces 
and  4  x  6-in.  struts  were  placed  at  each  end  of  the  walings  in  ad- 
dition to  4  X  6-in.  struts  in  the  iniddle,  the  timbering  thus  being 
divided  up,  into  8  ft.  bays.  After  the  bottom  setting  of  timber 
had  been  driven  down  to  the  full  depth,  the  joints  of  the  irunners 
were  covered  with  short  lengths  of  1-in.  boards  to  keep  back  the 
sand  as  much  as  possible..  This  helped  considerably  but  did  not 
entirely  prevent  the  ,sand  from  washing  in. 

The  drawing  of  the  timbers  after  the  pipes  had  been  laid  was 
attended  with  some  danger.  The  bottom  setting  was  first  drawn, 
often  ejiposing  big  caves  in  the  sides  of  the  trench  where  the  ma- 
terial had  washed  away.  These,  with  the  trench,  were  filled  up  to 
the  bottom  of  the  next  setting  before  any  of  the  top  timbers  were 
disturbed.  On  removing  the  struts  from  the  top  setting  the  sides 
of  the  trench  often  fell  in  from-  several  feet  back,  to  the  great 
danger  of  the  timbermen,  but  fortunately  the  work  was  completed 
without  any  serious  mishap  .from  this  cause.  , 

In :  passing'  the  telephone  poles  which  came  immediately  on  the 
side  of  the  trench,  the  top  setting  of  timber  was  left  in  for  safety. 
In  addition  stays  were  placed  on  the  poles  and  left  there  after 
completion  of  the  woi'k  to  protect  them  from  heeling:  over  or 
sinking  until  the  trench  settled  down  quite  firm.  In  some  places 
where  the  ground  was,very  bad,  particularly  at  a  point  where  the 
trench  passed  close  to  a  grove  of  trees,  the  whole  of  the  timbering 
was  left  in  the  trench.     After  filling  such  places  a  large  amount 
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of  surplus  earth  remained:  to  be  hauled  away.  Th^  trenches  have 
shown  very  little  sign  of  settling  down  since  being  flUeid,  and  it  is 
likely  ,that  the  eaves  left  behind  the  timbering  where  it  was  ijot 
drawn  will  silt  up  from  underneath  quicker  than  the  filling  ma- 
terial will  find  its  way  through  from  above. 
Pumping  was  required  at  all  times.     At  the  beginning  of  the 
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Fig.  36.  ■  Longitudiiial  and  Transverse  Sections  of  a  Top  and 
Bottom  Setting  of  Timber  for  30-Pt.  Sewer  Trench  in  Quick- 
sand. 


bad  stretch  a  sump  was  located  and  the  water  was  removed  from 
this  by  a  Pulsometeir  pump.  In  capacity  it  was  found  to  be 
more  than  sufficient  to  deal  with  the  quantity  of  water,  and  there- 
fore it  was  worked  intermittently.  For  this  reason  the  sand  that 
was  carried  by  the  water  settled  down  on  the  valves  during  the 
periods  of  rest  and  th^re  was  often  a  delay  in  getting  the  pump,  to 
start  again. 
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Shortly  after  the  commencement  of  the  work  on  the  flat  grade 
it  was  found  impossible  to  keep  the  sewer  free  from  the  sand 
carried  in  suspension  in  the  water,  and  being  very  fine,  it  quickly 
settled  doiwn  in  the  pipes  and  formed  -  an  obstruction.  •  Attempts 
were  made  by  means  of  rods  and  chains  drawn  through  to  keep 
the  pipes  clear.  Flushing  from  a  hydrant  also  was  tried.  But 
the  level  of  the  water  could  not  be  kept  down  sufficiently  to  make 
good  joilits,  and  pumping  in  front  of  the  pipe  layers  had  to  be 
resorted  to.  A  4-hp.  vertical  gasoline  engine  and  a  belt-driven 
centrifugal  pump  were  provided  for  this- purpose.  The  pump  was 
set  down  in  the  trench  about  10  ft.  above  the  invert  of  the  sewer. 
About  -35  ft.  of  flexible  suction  hose  was  attached  to  the  pump, 
making  it  possible  to  lay  about  70  ft.  of  pipe  before  moving  the 
pump  further  along  the  trench.  The  gasoline  engine  occasionally 
gave  a  little  trouble,  but  the  centrifugal  pump  proved  quite  satis- 
factory for  dealing  with  the  very  sandy  water,  which  was  raised 
to  the  surface  and  discharged  on  the  other  side  of  the  road. 

The  sand  flowed  so  freely  into  the  trench  that  often,  after  stand- 
ing over  the  week-end,  it  had  filled  the  trench  up  to  the  level  of 
the  top  of  the  pipes.  The  bottom  of  the  trench  was  good,  as 
a  rule.  The  quicksand  came  from  a  few  feet  higher  up.  In  some 
places,  hovpever,  where  the  bottom  was  soft,  timbers  were  put  in 
to  give  a  iirm  bearing  for  the  pipes.  As  a  result  of  the-  flow  of 
sand  into  the  trench,  caves  were  formed  behind  the  sheeting. 
When  a  delay  occurred  which  caused  the  trench  to  be  left  open  a 
little  longer  than  usual,  big  falls  of  sand  took  place,  due  to  the 
cave  and  the  weight  of  earth  above.  These  falls  often  pulled  down 
the  top  setting  of  timber  a  few  feet,  causing  the  walings  to  sliap. 
This  constituted  a  great  danger  and  the  work  was  delayed  on 
several  occasions  by  the  caving  in  of  the  sides  of  the  trench  from 
this  cause. 

Building  a  Brick  Sewer  in  Quicksand.  Curtis  Hill  gives  the 
following  in  the  Trqnsdctions  of  the  Cornell  Society  of  Civil  Engi- 
neers (1905).  In  St.  Louis  an  oval-shaped  sewer,  4x6  ft.  in 
size,  was  constructed  on  a  quicksand  ^ed,  the  three  lowest  feet 
being  in  quicksand.  The  trench  was  excavated  until  quicksand 
was  found  when  sheeting  was  driven  first  along  the  sides  and,  then 
across  the  line  of  sewer  to  below  subgrade,  thus  boxing  oiBF  a 
section  of  quicksand.- ,  This  was  excavated  as  rapidly  as  possiblej 
and  burlap  sacks,  loosely  filled  with  dry  concrete,  were  placed  in 
the  bottom  of  the  trench  immediately  and  tamped  into  the 
sand.  These  sacks  were  placed  slightly  lapping  one  another,  the 
outside  ones  resting  upon  the  sheeting  at  the  sides,  and  roughly 
conformed  to  the  shape  of  the  sewer  invert.     Nine  or  ten  inches 
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of  concrete  gave  a  stable  foundation  and  the  brickwork  waa 
built  directly  upon  it. 

Solidifying  Quicksand  by  Injecting  Cement  Grout.  At  Provi- 
dence, R.  I.,  according  to  Engineering  News,  Apr.  28,  1892,  .great 
trouble  was  experienced  in-  1891  in  the  construction  of  a  large 
sewer  in  quicksand.  The  contractors  were  unable  to  proceed,  and 
petitioned  for  cancellation  of  their  contract,  which  petition  was 
granted  by  the  city  council. 

In  the  vicinity  of  the  sewer  a  large  section  of  wooded  area  about 
150  X  75  ft.  in  extent  sank  several  feet  after  a  pump  had ,  been 
operating  in  the  trench  for  2  days.  The  trench  had  to  be 
from  12  to  15  ft.  wide  and  20  to  30  ft.  deep  in  quicksandy  ma- 
terial saturated  with  water  almost  to  the  surface.  The  force 
of  the  flow  of  quicksand  was  almost  irresistible,  4-in.  splined 
spruce  sheeting  in  a  30-ft.  trench  snapped  off  several  planks  at  a 
time,  and  spruce  struts  were  forced  into  the  rangers. 

An  experiment  was  made  with  an  invention  of  Robert  L.  Har- 
ris. Four  pipes,  4  ft.  apart,  were  driven  to  a  depth  of  17  ft. 
Water,  forced  down  two  of  the  pipes,  washed  out  a  chamber  while 
seeking  an  outlet  through  the  other  pipes.  A  smaller  pipe,  with 
suitable  valves,  was  then  put  down  inside  one  of  the  larger  pipes. 
When  this  small  pipe  extended  below  the  outside  of  the  larger 
pipe  there  was  a  free  passage  for  fluid  up  or  down.  When  the 
inner  pipe  was  drawn  up  a  little,  it  acted  as  a  valve  and  closed 
the  larger  pipe.  Cement  grout,  "  doctored  "  with  sand  and  plas- 
ter of  Paris,  was  then  forced  down  the  smaller  pipe.  By  repeat- 
ing this  a  floor  of  concrete  was  formed.  ^ 

Freezing  Quicksand.  Maurice  Deutsch,  in  Engineering  News, 
Jan.  30,  1913,  describes  the  successful  employment  of  the  freez- 
ing process  in  the  excavation  of  a  building  foundation  in  Berlin, 
Germany,  where  ordinary  methods  had  previously  proved  a  failure 
and  had  caused  settlement  of  adjoining  buildings.  The  material 
was  quicksand,  extending  to  considerable  depth.  The  cellar  ex- 
cavation was  carried  a  distance  of  36  ft.  below  ground  water  level 
and  25  ft.  below  the  foundations  of  the  adjoining  buildings. 

Closed  pipes,  on  3-ft.  centers,  5  in.  in  diameter  and  %8  in. 
thick,  wert  driven  vertically  59  ft.  deep,  around  the  site,  6.5  ft. 
from  adjoining  buildings.  Inside  these  pipes  was  set  a  l-in. 
brine  pipe.  Refrigerating  brine  was  pumped  down  the  l-in.  pipe 
and  up  the  annular  space  between  that  pipe  and  the  surrounding 
5-in.  pipe,  at  a  velocity  of  11.5  ft.  per  min.  After  four  weeks, 
the  ground  was  frozen  sufficiently  for  excavation  which  was  ac- 
complished by  dredging.  The  iottom  of  the  excavation  w:as  cov- 
ered with  a  thick  bed  of  concrete  placed  under  water. 
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Bleeding  Wet  Sand  at  Gary,  Ind.  Engineering  and  Gontraof-, 
ing,  Aug.  5  and  Oct.  14,  1908,  give^  the  following,  :,   , 

The  sand  at  Gary,-  Ind.,  is  very  fine,  andi  is  such  a  sand  as  forms 
the  dunes ;  of  Michigan  and  other  states  bordering  Lake:  Wlich^- 
gan.  When  water  soaked  it  slopes  at  a  grade  of  1  vertical  to  15 
horizontal.  On  the  location  of  the  work  this  fine  sand  was  water 
soaked  to  within,  a  few  feet  of  the  surface.  ;  In  places  j;lie  water 
covered  the  surface. 

In  constructing  a  brick  sewer  of,  oval  sectioip,,  6,  ft.  4  in.  by  8 
ft.  11  in.  in  size,  the  trench  was  dug  to  depths  varying -between 
18  and  30  ft.  A  preliminary  wide  shallow  cut  was  excavated 
first  by  a  grab  bucket  and  later  by  scraper  bucket.  Fpr  the  ijrst 
4;900  ft.  a  %-cu.  yd.  Hayward  orange-peel  bucket,  operated  by  a 
25php.  engine,  was  used.  This  machine  removed  21,250  cu.  yd. 
at  i  the  following  cost. 

Engineman,  56  day's,  at  $6  $   336.00 

Fireman,   56  days,   at  $3.50   196.00 

Laborers,  255  days,  at  $1.75  446.25 

Coal,  66  shifts,  at  $5" 280.00, 

Total '.'...-.: $i,25S:25'' 

Cost  per  cu.  yd. '.         J0.059  ;, 

At  this  point  'the  orange-peel  was  removed  to  the  rear  to  work 
on  bacjifilling  and  a  Page  &  Schnable  drag-  scraper  excavator  was 
^jibstituted.  This  machine  had  a  2-cu.  yd.  bucket  and  a  40-hp. 
engine.  This  engine  was  found  to  be  too  weak  and  was  used  only 
until  a  larger  one  could  be  secured.  Another  objection  to  the 
first  arrangement  was  that  two  men  were  required  to  operate  the 
bucket,  one  at  the  hoist  and  one.  at  the  swing  engine.  With  the 
machine  as  first,  equipped  and  operated  15,300  eu.  yd.  of  material 
were  excavated  at  the  following  cdst: 

Engineman,  31  days,  at  $6 $186.00 

Fireman,  31  days,  at  $3.50   108,50''       ' 

Engineer,  31  days,  at  $3 ,93i00,'    ■  T 

Laborers,  118  .days,  at  $1.75  206.50 

Coal,  31  shifts,  at  $5 .'  155.00 

Total    ...;.,; ,. $749^00 

Cost  per  cu.  yd. $(i.049 

The  40Thp.  engine  was  replaced  by j  one  of  60-hp.,  so  arranged 
that  one  man  operated  both  hoist  and  swinging  engine.  With  the 
remodeled  outfit  11,000  cu.  yd.  of  material  were  excavated  at  the 
following  cost: 

Engineman,  21  d'avs,  it'$6 : $126.00,     ,. 

Fireman,  21  days,  at.?3;50; ,...,.,     ,  73.50' 

Laborers,  84  days,  at  $1.75 147.00 

Coal,  21  shifts,  at' $5   ...;..,: : 105.00 

Total $451.50 

Cost  per  cu.  yd $0,041 
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It  will  be  seen  that  the  change  of  engines  reduced  the  cost 
per  cubic  yard  by  the  amount  of  the  wages  of  one  engineman ;  the 
saving  was  0.83  ct.  per  cu.  yd.  Summarizing  we  have  a  cost  of 
$2,488  for  excavating  47,S50  cu.  yd.,  or  of  5.23  ct.  per  cu.  yd. 
For  the  4,258  ft.  of  sewer  the  cost  was  57.9  ct.  per  lin.  ft.  The 
machine  was  mounted  on  rollers  traveling  on  a  track  of  timbers. 
One  merit  of  the  machine  \vas  that  some  of  the  excavated  material 
could  be  dumped  straight  ahead  in  the  path  of  the  worlc  so  that 
it  built  its  own  roadbed  over  the  swamps  in  front.  The  machine 
was  pulled  ahead  by  simply  lowering  the  bucket  and  letting  it  get 
a  good  bite  in  the  ground  ahead,  then  pulling  on  the  digging 
cable. 

When  the  scraper  bucket  had  excavated  to  water  level  the 
ground  water  was  partially  removed  by  the  method  known  as 
"  bleeding."  This  method  proved  eminently  successful.  It  en- 
abled sand  that  normally  flows  at  a  slope  of  1  on  15  to  be  ex- 
cavated in  narrow  trenches  to  some '22  ft.  below  water  level  with 
only  ordinary  rough  sheeting  reaching  to  a  point  6  ft.  above 
the  bottom.  So  important  a  factor  in  the  successful  prosecu- 
"tion  of  the  work  was  the  "  bleeding "  that,  according  to  one  of 
the  engineers  on  the  work,  had  the  pumping  been  stopped 
for  hdlf  an  hour  the  trench  would  have  been  dangerous  to 
work  in. 

The  method  of  bleeding  was  essentially  as  follows:  A  4-in. 
pipe,  132  ft.  long,  in  six  22-ft.  sections,  stretched  along  the  center 
line  of  the  sewer.  On  each  side  of  this  pipe,  about  3  ft.  away,  is 
sunk  a  row  of  well  points  2  ft.  apart.  These  well  points  are  3 
ft.  long  and  are  attached  to  13-ft.  pipes.  The  tops  of  the  driven 
pipes  are  connected  by  hose  to  the  4-in.  pipe  line  which  has  cross- 
valves  for  the  purposes.  A  pump  connects  with  the  4-in.  pipe 
line  and  also  with  a  4-in.  well  point  sunk  vertically  underneath. 
An  extension  of  the  4-in.  pipe  line  with  strainer  end  also  takes 
the  surface  water  from  a  sump. 

This  battery  of  well  points  lowers  the  water  so  that  a  further 
excavation  of  6  to  8  ft.  can  be  ma,de  between  sheet  piling.  A 
second  battery  of  well  points  is  then  sunk  at  this  new  level.  In 
this  battery,  however,  the  points  are  sunk  close  to  the  sheeting, 
and  each  row  feeds  into  a  separate  2-in.  pipe  along  the  trench. 
This  battery  lowers  the  water  level  enough  to  permit  excavation 
to  sub-grade,  which  is  some  6  ft.  below  the  bottom  of  the  sheeting. 
The  brick  sewer  is  then  built  in  the  usual  manner  and  the  back- 
filling is  done  by  means  of  a  derrick  and  H«yward  clam-shell 
bucket. 

Fig.  37  shows  the  general  plan  of  procedure  described.  It  was 
noted  that  the  vacuum  type  pf  pump  seemed  to  be  particularly 
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successful  owiffig  to  its  ability  to  work  with  a  large  amouat  of 
air  in  the  suction  and  to  its  ability  to  handle  gritty  water. 

Referring  to  Fig.  37  it  will  he  seen  that  the  first  battery  of 
well  points  occupies  a  narrow  space  along  the  center  of  the 
trench;    this  permits   the  she»ting  to  be  driven   outside !  of   the 
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Pig.  37.     Scraper  Excavator  on  Trench  Work. 


well  points.  The  well  points  are  2  in.  x  3  ft.,  and  they  are  at- 
tached to  2-in.  X  1 3-ft.  pipes  with  ells  at  their  tops.  A  4-ft. 
length  of  wire-lined  hose  is  attached  to  each  ell.  These  points 
are  sunk  vertically  by  jetting.  Points  of  similar  type  but  of  less 
diameter  that  were  used  on  a  narrow  trench  are  illustrated  in 
Fig.  38.    ' 
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Fig.  38.     Pump  Point  for  "  Bleeding." 
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Two  men  were  timed  in  jetting.  They  used  1-in.  jetting  pipes 
with  about  100  lb.  water  pressure  and  sunk  four  points  in  one 
minute.  This  time  did  not  include  making  connections.  In  addi- 
tion to  the  two  rows  of  2-in.  points,  a  4-in.  point  is  sunk  directly 
under  the  pump.  , 

The  well  points  are  connected  by  the  short  hose  lengths  to  a 
4-in.  horizontal  suction  pipe.  Six  22-ft.  sections  of  suction,  pipe 
are  used  with  flanged  joints.  Each  section  has  11  cross-valves 
with  double  bushings  for  the  hose  connections^  A  gate  valve-near 
the' end  of  each  section  permits  the  rear-sections  to  be  removed 
and  placed  ahead  as  fast  as  the  work  progresses.  An  extension 
of  the  4-in:  suction  pipe  forward  to  a  sump  in  the  excavation  be- 
ing made  by  the-  scraper  bucket  handles  the  surface  water. 

The  water  is  drawn  from  the  suction  pipe  by  an  Emerson  No.  3 
pump  with  5-in.  suction  and  4-in.  discharge.  'Ihe  pump  is  hung 
to  a  chain  fall  from  an  A-frame  mounted  on  rollers.  It  discharges 
into  a  tile  drain  alongside  the  trench;  this  drain  leads  back  to 
the  completed  sewer  discharging  behind  a  temporary  dam  of  bags 
of  sand  inside  the  sewer.  Summarized,  the  first  battery  of  well 
points  is  composed  as  follows: 

One  No.  3  Emerson  pump;  1  (4-in.)  well  point  sunk  below 
pump;  132  (2-in.)  well  points  sunk  in  two  rows;  1  (4-in.)  suc- 
tion >pipe  with  extension  to  surface  water  sump.  The  trench 
was  sheeted  10  ft.  wide,  the  sheeting  being  carried  along  so  as  to 
embrace  about  one  section  (the  rearmost)  of  the  first  battery  of 
well  points.  The  sheeting  was  2  x  8-in.  x  12-ft.  planks  and  is 
driven  by  mauls.  Waling  pieces  and  trench  braces  were  placed 
as  the  excavation  proceeded.  This  excavation  was  carried  down 
about  6  ft.  by  shovelers,  and  at  this  level  the  second  battery  of 
well  points  was  placed.  The  sheeting  was  pulled  as  the  back- 
filling proceeded. 

The  second  battery  of  well  points  consisted  of  two  rows  like  the 
first,  but  the  rows  were  placed  wide  apart  (close  inside  the  sheet- 
ing on  both  sides)  and  each  had  a  separate  suction  pipe.  The'sue- 
tion  pipes  were  2  in.  and  the  well  points  II4  in.  in  diametefr.  The 
well  points  and  pipes  were  16  ft.  long,  and  when  sunk  they  pen- 
etrated about  2  ft.  below  sub-grade  and  6  ft.  below  the  bottom  of 
the  sheeting. 

Two  pumps  similar  to  those  used  for  the  first  set  ,of  points  op- 
erated this  battery.  Each  drew  water  from  both  rows  of  well- 
points  and  also  from  a  4-in.  well  point  sunk  directly  under  the 
pump.  From  a  4-way  connection,  2-in.  pipes  branched  right  and 
left  to  connections  with  the  2-in.  suption  pipes.  A  third  connec- 
tion was  made  to  the  4-in.  point.  The  pumps  could  concentrate 
their  work  on  one  portion  of  the  battery  or  could  pump  from  the 
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entire  system.  The  pumps  discharged  into  the  same  drain  as  the 
first  pump.  The  methods  of  advancing  the  second  battery  were 
substantially  the  same  as  for  the  first  set  of  well  points.  Gen- 
erally the  forward  end  of  the  second  battery  was  kept  far  enough 
ahead  to  overlap  the  rear  section  of  the  first  battery. 

The  pumping  was  continuous  day  and  night,  but  the  jetting  of 
well  points  and  changing  of  piping  was  confined  to  the  regular 
shift  of  9  hr.  In  this  method  of  pumping  it  is  important  to  keep 
lowering  the  points  as  the  excavation  deepens.  If  the  points  .are, 
driven  to  bottom  grade  at  the  beginning  of  the  excavation  work, 
an  unnecessarily  large  amount  of  material  must  be  unwater^d.  i 

The  item  of  pumping  comprises  all  the  work  .  of  sinking,  and 
shifting  the  well  points  and  pipe  line  and  the  removal  of  the 
backwater  in  the  finished  part  of  the  sewer.  Three  Emerson 
pumps  took  water  from  the  well  points,  a  fourth  handled,  the 
backwater  and  a  duplex  pump  furnished  water  for  boilers,,  mixing 
mortar,  jetting,  etc.     The  cost  was  as  follows: 

Laborers,  642  days,,  at  $1.75  $   948.50 

Pipe  line  men,  958  days,  at  ?2.50  2,395.00 

Total  for  pipe  work , $3,343.50 

Coal,  100  days,   at  $15 $1,500.00 

Firemen,  855  days,  at  $3.50  .i.   '2,992.50 

Total  for   piimping $1,492.50   , 

Grand  total    ....:. $7,830.00 

Cost  per  Ifn.  ft $1,837,   , 

Pumping  costs  and  pipe  line  costs  have  been  separated,  since 
the  fiirst  in  a  continuous  expense  which  does  not  vary  from  day  to 
day,  and  the  second  cost  is  operative  only  when  construction  is 
actually  going  on,  :  , 

Hand  Excavation.  The  bottom  13  ft.  in  depth  of  the  trench  was 
excavated, by  hand  between  sheeting;  the  width  of  the  excavation 
was  approximately  10  ft.     The  cost  of  the  work  was  as  follows: 

Laborers,  6,441  days,  at  $2  $12,882.60 

Foreman,  84  days,   at  $3   622.00 

,,     Total :...    $13,434.00    ' 

Cost  per  cu.  yd $0,665 

The  total  amount  of  hand  excavation  was  23,800  cu.  yd: 
SKeeting.  The  sheeting  consisted  of  vertical  2  x  8-in.  by  12-ft. 
planks  held  by  two  pairs  of  6  x  8-in.  waling  pieces  and  !)-ft.  cross 
braces  spaced  8  ft.  apart.  In  cases  of  very  wet  trench  a  third 
row  of  waling  and  braces  was  put  in;  occasionally,  also,  hori- 
zontal sheeting  was  used' in  the  bottom.  Sheeting  was  driven  to 
within  6  ft.'  of  the  trench  bottom.     The  cost  of  driving  the  sheet- 
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ing  and  placing  the  bracing  and  also  of  pulling  it  was  as  [fol- 
lows: 

Placing : 

Laborers,  882  days,  at  $2  $1,764 

Foreman,   80  days,  at  $3.50   280 

Carpenters,  60  days,  at  $3 160 

Total     .'.....„ '   ^2,194 

Pulling:              '                                     ..<•■. 
Laboi;ers,  242  days,  at  $2 484 

Total I . . .    $2,678 

Cost  per  lin.  ft :'..;.;...    $0,629 

The  materials  were  hauled  1,500  ft.  In  steel  dump  cars  runniiig 
on  portable  track;  the  cars  were  pushed  by  hand.  Coal,  lumber, 
supplies,  etc.,  purchased  from  local  dealers,  were  hauled  by  team. 
The  cost  of  hauling  was  as  follows : 

Laborers,  1,219  days,  at  $2  $2,438 

.il'oreman,  80  days,  at  $3.50 280 

Teams  and  drivers,  180  days,  at  $5.60  990 

Total     $3,708 

Cost  per  lin.  ft $0.87 

The  construction  of  the  4,258  ft.  brick  sewer  was  as  follows: 

Laborers,  1.606  days,  at  $2  $  3,012.00 

Carpenters,  50  days,  at  $3 150.00 

Torm  setters,  225  days,,  at  $3.76 843.75 

"           Bricklavers,-471  days,-at  $10 4,710.00 

Scaffold  men,  236  days,  at  $2.75   649.00 

',)!    .  ,   Brick  tenders,  236  days,  a.%  $3.75   885.0u 

Mortar  mixers,  387  da.vs,  at  $2,£5  800.75 

Total     $11,110.50 

Cost  per  lin.  ft $2,609 

As  noted  further  on,  the  cost  of  brick,  and  cement  for  the  job 
was  $14,436.50,  or  $2,384  per  foot  of  sewer,  making  the  total  cost 
for  labor  and  material  $4,993  per  lin.  ft,  Since  there  were  520 
bricks  per  lin.  ft.  of  sewer,  the  cost  per  cubic  yard  of  the  brick- 
work was  approximately  the  same  as  the  cost  per  lineal  foot.  The 
bricklayers  averaged  4,710  bricks  per  man  per  9-hr.  day.  Two 
barrels  of  cement  were  used  per  1,000  bricks. 

Enough  backfiHing  was  done  by  hand  to  cover  the  sewer  and  to 
permit  the  sheeting  to  be  pulled ;  the  remainder  was  done  with 
the  clajm-shell  excavator  first  used  for  preliminary  trenching. 
The'  cost  of  backfilling  by  hand  was  as  follows ; 

''                                                                 Per  lin.  ft. 
Laborers;  378  days,   at  $2 i$0.18 
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The  cost  of  backfilling  by  machine  was  as  follows: 

Laborers,  307  days,  at  $1.75  $   537.25 

Engineers,  93  days,   at  $6  558.00 

Firemen,  93  days,  at  |3.50  325.50 

Coal,  93  shifts,   at  $6   465.00 

Total    : $1,886.75 

Cost  per  lin.  ft $0,440 

The  cost  of  the  materials  used  in  the  job  was  as  fpUows: 

2,221,000  brick,  at  $5 $11,105.00 

Dtica  cement,  6,66.3.  sacks,  at  20  et 1,332.60 

"CJniversal  cement,  6,663  sacks,  at  30  ct 1,998.90 

30  M.  ft.  B.  M.  lumber,  at  $20 600.00 

Total     ' '. $15,036.50  .,  ■ 

Cost  per  lin.  ft $3,529      ' 

The  costs  of  superintendence  and  general  expenses  were  as  fol' 

lows:                                                            '  ' 
Superintendence : 

Superintendent,  4  mo.,  at  $160 '.;,.' $   600 

Greneral  foreman,  4  mo.,  at  $125  ^^.l''. 500 

Master  mechanic,  4  mo.,  at  $200  .'..';'.. I;.'; .  800 

Timekeeper,  3  mo.,   at  $60   180 

Team,  100  days,  at  $4  ^.i; 400 

Total    $2,480 

General  Expenses: 

Waterboys,  220  days,  at  $1.50  ., $   330 

Clearing-!  right  of  way,  60  days  at  $150  90 

Total    $   420 

Cost  per  lin.  ft $0,099 

Summarizing  we  have  the  cost  per  lineal  foot  of  sewer  as  fol- 
lows : 

Excavation  by  machine   ^ $0.58 

Excavation  by   hand    3.15 

Sheeting    .-. 0,63 

Hauling  brick  and  other  materials  0.87 

Pumping     1.84 

Laying .  brick  sewer   2.61 

Backfilling  by  hand   0.18 

Hadkfilling  by  machine    0.44 

Materials     ..  .■ ^ 3.53 

Superintendence  and  general  . . .' 0.68 

Depreciation,  .repairs,  setting  up  machines  ,.1-50 

Making  3  railway  crossings  $2,500) 0,58' 

Total  per  ft $16.59 

The  work  was  begun  on  April  2  and  was  completed  on  Aug.  5, 
1908,  during  which  time  only  11  days  were  lost  by  the  brick- 
layers. 

Cost  of  a  Sewer  in  Quicksand  at  Gary,  Ind.     The  following  is 
given  in  Engineering  and  Contracting,  Jan.  27,  1909; 
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A  66-in.  brick  sevypr  was  constructed  at  Gary,  Ind.,  by  methods 
similar  to  those  used  for  constructing  an  oval  sewer  described 
above.  The  land  consisted  of  alternating  ridges  and  marshes  dif- 
fering in  elevation  about  10  ft.  The  trench,  therefore,  varied  in 
depth  from  14  tg  24  ft.,  averaging  17  ft.  The  material  %as  a  fine 
sand  saturated  with  water  to  a  height  of  13  or  14  ft.  above  the 
trench  bottom.  " 

Construction  was  begun  Aug-  1  and  finished  Oct.  1,  1908.  La- 
borers on  excavation,  sheeting,  pumping,  etc.,  worked  a  10-hr. 
day ;  tenders,  cement  mixers  and  helpers  to  bricklayers  worked  a 
9-lir.  day ;  bricklayers  worked  an  8-hr.  day ;  firemen  on  pumps 
worked  in  12-hr.  shifts,  and  excavating  machine  crews  worked 
a  9,-hr.  day.  The  costs  of  the  various  items  of  the  work  were 
as  follows. 

Drag  Bucket  Esceiuvator  Wwlc.  The  preliminary  cut  was  about 
30  ft.  wide  and  from  4  to  10  ft;  deep;  there  were  33,350  cu.  yd. 
of  excavation  for  the  4,062  ft.  of  sewer  or  about  8.21  cu.  yd. 
per  lin.  ft.  The  excavator  worked  83.5  shifts  and  so  averaged 
nearly  400  cu.  ft.  per  shift  of  9  hr.  The  coat  of  operating  the 
excavator  was  as  follows: 

1  engineman,  at  $6  $  6.00 

1  fireman,    at  $3.50 3.50 

4  laborers,    at   $2    8.00 

Coal    (estimated) 5.00 

Oil,  repairs,  etc 2.00 

Total  per  9  hr ?24.50 

This  gives  a  cost  of  6.1  ct.  per  cu.  yd.  of  excavation  and  of  50.3 
ct.  per  lin.  ft.  of  sewer. 

Excavation  by  Hand.  The  excavation  between  sheeting,  approx- 
imately 81^  X  10  ft.,  was  done  by  hand,  scaffolding  the  material 
from  3  to  5  times  and  an  average;  of  4  times.  The  cost'  of  the 
work  was  as  follows: 

Foreman,  51  days,  at  $3.25  $   165.75 

Laborers,  2,184  days,   at  $2.25   4,914.00 

Total    $5,079.75 

This  gives  a  cost  of  39.4  ct.  per  cu.  yd.,  and  of  $1.25  per  lin. 
ft.  of  sewer. 

Pumping.  The  pumping  plant  consisted  of  3  No.  3  Emerson 
pumps  drawing  from  the  well  points;  1  No.  2  Emerson  pump  tak- 
ing water  from  the  pools  formed  behind  the  drag  bucket  ex- 
cavator; 1  duplex  pump  for  boiler  feed,  jetting  points,  wetting 
brick,  etc.,  and  4  30-hp.  horizontal  boilers  mounted  on  wheels. 
This  plant  worked  continuously.  The  cost  of  operation  was  as  fol- 
lows : 


878      HANDBOOK  OF  EARTH  EXCAVATION 

Laborers,  464  days,  at  $2 $   928.00  , 

Fireman,  439  days,  at  $3.50   1,536.60 

Pipe  linemen,   1,238  days,'  at  $2.50  3,094.00 

Foreman,  27  days,  at  $3.50 94.50, 

Coal,  60  days,  at  $15   (estimated)    900.00 

Total .-•■••    $6.5^3.00,  , 

This  gives  a  cost  per  lineal  foot  of  sewer  of  $1.61  for  pump- 
ing. Charged  entirely  against  i the  excayation  between  sheeting 
which  was  closely  12,893  cu.  yd.,  the  cost  of  pumping  per  cubic 
yard  of  excavation  was  50.8  ct. 

, Sheeting., ,  The  sheeting  consisted  ,of  2  x  8-in.  x  12-ft.  planlc 
driven  close  on  each  side  of  the  t^encl^.. ,,  This  sheeting  was 
braced  apart  by  two  6  x  8-in.,  waling  pieces  pet  3  ft.,  apart  ver- 
tically and  6  X  8-in.  X  81^-ft.  cross-braces  spaced  8  ft.  apart  along 
trench.  The  cost  for  sinking,  bracing,  pulling  and  bringing  for- 
ward was  as  follows: 

Labor,  placing  and  driving,  392  days  at  $2.25 $   882.00 

Labor,  pulling  and  'bringing  ahead,  182  days,  at  $2.25  409.50 

Foreman,  27  days,  at  $3.50  ;...  94.50 

Carpenter,  36  days,^at  $3   , 108.00 

Total    $1,494.00 

This  gives  a  cost  for  sheeting  of  36.8  ct.  per  liri.  ft.  of  trench 
and  of  11.6  ct.  per  cu.  yd.  of  excavation  between  sheeting.  There 
were  about  73  ft.  B.  M.  of  sheeting  and  bracing  per  litieal  foot  jof 
trench,  so  that  the  cost  per  M.  ft.  B.  M.  was  practically  $5  for 
labor  placing,  pulling,  etc. 

Laying  Brick  fiercer.  The  sewer  was  built  of  two  rings  of  brick. 
The  invert  was  built  in  24-ft.  sections.  Wooden  centers  with  lag- 
ging 16  ft.  long  were  used  in  laying  the  arch  and  2  men  knocked 
"the  centers  down,  brought  them  forward  and  rc-erected  them  as 
fast  as  6  bricklayers  could  work.  The  cost  of  laying  was  as  fol- 
lows : 

Bricklayers,  223  days,  at  $10  V $2,230.00 

Tenders,  112  days,  at  $3.75 420:00 

Scaffloldmen,  111  days,  at  $2.75 305.35 

Mortar  mixers,   225  days,   at  $2.50  ^ 562.50 

Form  setters,  100  days,  at  $3.75  375.00 

Laborers,  715  days,  at  $2  1,430.00 

Carpenter,  18  days,   at  $3   ._. 54.00 

Total $5,376.75 

This  gives  a'  cost  of  $1.32  per  lin.  ft.  of  sewer  and  of  $3.28  per 
1,000  bricks  laid. 

Backfilling.  The  backfilling  to  a  height  of  2  ft.  above  the  brick- 
work was  done  by  hand,  and  for  the  remainder  of  the,  height  by  a 
1-cu.  yd.  Hayward  clam-shell  excavator.     The  backfilling  by  hand 
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called  for  277  days'  labor  at  $2  and  cost,  therefore,  $554  or  13.6 
et,  per  lin.  ft.  of  sewer.  The  cost  of  the  clam-shell  excavator  work 
was  as  follows : 

1  engineer,   at  $6 -. ,.  6.00 

1  fireman,   at  $3    ■ 3.00 

3  laborers,  at  12  6.00 

Coai  (estimated)    5.00 

Oil,  repairs,  etc ,  ,  .2.00 

Total   per  day    .- $22.00 

There  were  55  shifts  worked  giving  a  total  cost  of  $1,210.  In 
addition  the  drag  bucket  excavator  was  worked  backfilling  for 
18  shifts  at  $24.50,  making  a  total  of  $441.  Lumping  the  work 
of  both  machines,  the  cost  of  backfilling  was  40.G  ct.  per  lin.  ft. 
of  sewer  and  6.8  ct.  per  cu.  yd.     , 

Materials.     The  cost  of  materials  was  as  follows: 

1,018,000  brickl'at  $5  per  M.    ...'....'. $5,090.00 

3,064  bags  Utica  cement,  at  20  ct 610.80 

3,054  bags  Universfil  cement,  at  36  ct 1,065.90 

Lumber    (estimated) 600.00 


Total i?, 


,369.70  ■ 


This  is  a  cost  of  $1.81  per  lin.  ft.  of  sewer. 

Hauling  Materials.  For  about  3,000  ft.'  of  the  work  all  ma- 
terials were  hauled  from  the  railway  siding  in  2-cu.  yd.  steel  dump 
cars  running  on  narrow  gage  track.  The  average  haul  was  1,700 
ft.  For  the"  remainder  of  the  work  the  hauling  was  done  with 
teams;  brick  were  hauled  by  subcontract  for  70  ct.  per  M.  Two 
teams  were  also  employed  throughout  the  work  to  haul  supplies 
from  local  dealers  and  to  haul  coal  to  the  excavators  when  they 
were  beyond  reach  of  the  contractors'  railway.  The  cost  of  haul- 
ing was  as  follows : 

Laborers,  767  days,,  at  $2 '..  $1,534.00, 

Foreman,  62  days,  at  $3.50  : 182.00 

Brick,  hauled  bv  team  at  70  ct.  per  M..... 194.60' 

Teams,  100  days,  at  $5.50  i 550.00 

Total    $2,460.00 


The  cost  of  hauling  was  thus  60.7  et.  per  lin.  ft.  of  sewer.       . 
Superintendence  and  General  Expenses.     The  costs  under  these 
items  comprised  the  following:  j 

Superintendent,  2  months,  at  $150  .' '. ...  $   300.00/ 

General  foreman,  2  months,  at  $150 ' 300.00 

,  ,,,,    |,Master  mechanic,  1  month,  at  $2Q0  ,.  ,.   200.00.      j  i 

Clearing  right  of  way 80.00 

Waterboys,  160  days,  at  $1.60 240.00 

Handy  teams,  52 "days,  at  $3 166.00, 

Total ........;.. $1,226.00 
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'ihis  gives  a  cost  of  30  ct.  per  lin.  ft.  of  sewer. 
Summary.     Summarizing  the  costs  of  the  work  per  lineal  foot 
of  sewer  we ~ have: 

Drag  bucket  excavation    • 10.503 

Hand  excavation    1.250 

Pumping     1:610 

Sheeting    0.368 

Laying  sewer   .., 1.320 , 

Baclcmiing  by  hand   0.1-36 

Backfilling  by  machine    0.406 

Materials     1.810 

Hauling  materials  . . .  ^ , 0.607 

Superintendence   and  general    '. 0.300 

Depreciation  of  .plant,  repairs,  etc.   (estimated).... 1.500 

Total  per  ft $9,810 

Draining  Quicksand  by  "Bleeding."  Frank  I.  Barrett,  in  En- 
gineering Sews,  Sept.  25,  1913,  describes  a  method  used  for  car- 
rying a  22  X  40-ft.  opening  through  an  8-ft.  bed  of  quicksand  3a 
ft.  below  a  river  bottom.  The  quicksand  was  so  soft  that  a  man 
cpuld  not  stand  on  it,  and  water  boiled  up  under  sheeting  that 
had  bepn  driven  12  ft.  below  the  top  of  the  sand.  The  method 
successfully  used  was  to  fasten  at  the  inner  side  of  the  sheeting, 
19  ft.  above  grade,  a  6-in.  pipe  header,  witl*  T- joints  and  valves 
spaced  3  to  5  ft.,  apart.  To  these  Ts  were  connected  2,-in.  pipes 
with  60-mesh  well  points,  3  to  4  ft.  long,  driven  6  in.  below 
grade.  The  water  was  removed  from  the'  header,  pipe  by  a  Gin. 
dupjex  pump.  A  second  pump,  with  a  large  supply  of  spare 
valves,  stems,  etc.,  was  kept  in  reserve.  The  pit  was  dry  af  ^r 
9  hr.  of  pumping  and  was  excavatejl  in  12  hr. 

Pumping  Quicksand  from  a  Trench.  A  description  of  the 
methods  and  costs  of  constructing  pipe  sewers  in  quicksand  at 
Wildwood,  JS!.  J.,  is  contained  in  Engineering  and  Contracting, 
June  3,  1908.  The  land  originally  was  covered  at  high  tide  by 
3  ft.  Qf  water,  but  had  -been  filled  in  above  high  tide  level  by 
dredged  material.  The  original  soil  was  black  mud  covered  with 
thick  meadow  sod,  with,  here  and  there,  piles  of  sand  which  were 
shifted  by  the  tide. 

The  trench  for  the  entire  distance,  12  Iniles,  was  through 
quicksand,  from  which  water  bubbled,  and  known  locally  as 
"  boiling  sand."  This  made  both  e.Kpensive  and  difficult  work, 
adding  to  the  cost  of  laying  the-  pipe,  as  it  was  difficult  to  keep 
the  pipes  at  the  proper  grade  and  in  good  alignment,  and  the  joints 
were  hard  to  caulk,  owing  to  the  water  in  the  ditch. 

The  greatest  cutting  was  61^  ft;  deep  and  the  entire  trench  was 
double  sheeted  throughout,  great  trouble  being  experienced  in 
keeping  the  trench  even  partially  dry.  Sump's  or  wells  could  not 
be  made,  as  the  pumps  pulled  out  so  much  sand  under  the  sheet- 
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ing  as  to  cause  either  the  ditch  to  fill  or  the  sheeting  to  cave 
in. 

The  sheeting  was  put  down  to  a  depth  of  10  ft.  with  a  water 
jet  in  advance  of  the  excavation,  this  being  the  only  way  the  con- 
tractor could  make  any  headway.  Owing  to  the  numerous  "  salt 
holes  "  encountered,  through  which  the  line  at  times  ran,  it  w;as 
necessary  to  make  a  foundation  for  the  manholes' and  pipe.  This 
was  done  by  piling  spaced  7  ft.  apart  and  6  in.  c.  to  c.  On  the 
piles  4  X  4-in.  yellow  pine,  8  ft.  long,  was  spiked,  and  to  this  \yere 
spiked-  hemlock  planks  2x8  — '^.2  ft.  long.  The  pipe  was  laid  on 
this  and  the  hole  filled  with  sand  and  salt  hay. 

If  a  manhole  was  located  at  one  of  these  "  salt  holes,"'  4  piles, 
10  to  15  ft.  long  were  driven  4%  ft.  c.  to  c.'  Four  railroad  ties 
were  then  spiked  together  with  two  pieces  Of  batten,  and  the  whole 
bolted  securely  to  the  piles.  On  this  foundation  was  placed  a  box 
5  ft.  square  and  10  in.  deep,  the  bottom  being  covered  with  tongue 
and  grooved  floor  boards,  arid  in  some  cases  lined  with  canvas 
and  the:  inside  covered  with  coal  tar  pitch.  The  concrete  was 
placed  in  the  box,  the  pipe  line  run  through,  and  the  brick  work 
completed. 

As  a  general  rule,  water  was  struck  in  excavating  the  trench 
about  18  in.  below  the  surface.  The  pipe  laid  was  8  and  12in. 
terra  cotta,  hence  the  ditch  was  made  only  wide  enoUgh  for  a 
man  to  work  in  it  easily,  this  width  being  2  ft.  for  a  iitch>  6  to 
7, ft.,  in  depth. 

The  method  of  excavating  was  as  follows:  By  using  the  piston 
pump  the  sheathing  was  put  down  for  a  distance  of  150  ft.  along 
the  trench,  and  a  closure  made  at  each  end.  Then  10  laborers 
were  put  in  the  trench  and  excavation  made  to  the  watet  line, 
when  rangers  and  braces  were  set. 

The  piston  pump  was  then  started  pumping  water  into  this 
"  land  coffer  dam."  A  centrifugal  pump  was  moved  into  position, 
and  the  discharge  pipe  placed  midway  in  the  last  section, '  where 
the  sewer  pipe  had  already  b^en  laid.  Thus  the  centrifugal  pump 
excavated  the  material  from  the  forward  section  and  backfilled 
the  last  section  at  the  same  time.     See  Fig.  39. 

When  grade  was  reached,  the  foundation  piles  were  jetted  down 
and  the  cradle  constructed.  ,  The_pipe.  was  then  laid,  the  joints 
being  made  with  cement  and  tar. ,  The  next  section  was  then  done 
in  the  same  manner. 

The  sand  excavated  was  quite  coarse,  and  but  little,  agitation, 
vvas  necessary  with  shovels,  in  order  to  allow  the  pump  to  pick  up 
the  sand.  When  the  sand  is  fine  grained,  much  more  water  is 
needed,  and  likewise  the  sand  must  be  a,gitated  with  shovels. 
With  extremely  fine  sand,  the  men  must  be  relieved  frequently,  as 
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the  work  is'  hard,  arid,  as  the  pumps  take  up  a  much  smaller 
percentage"  of  the  sand,  the  ditch  must  be  kept  with  a  larger 
amount  of  water  in  it,  and  the  men,  being  compelled  to  stand  in 
the  water,  feel  the  effect  of  it  quickly. 

At  times  when  the  contractor  got  as  deep  in  the  trench  as  the 
original  ground  surface,  he  encountered  a  considerable  number 
of  roots,  that  had  to  be  cut  out,  but  this  was  seldom  necessary. 
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^Flgr.  3— (1)  Centrifugal  Pump:  (2)  Boiler:  (3) 
Piston  Pump;  (4)  Pipe  In  Trench:  (5)  Trench  Be- 
ing Excavated;  (6)  Suction  Pipe;  (7)  Discharge 
Pipe;  (8)  and  (9)  Steam  Pipes;  (10)  Pipe  to 
Water  Supply. 

Fig.   39.     Arrangement  of   Plant   for   Excavation   in   Quicksand. 


Fig.  39  -shows^  the  layout  of  the  plant  to  do  the  work  in  the 
manner  described.  In' this  way  an  average  of  300  lin.  ft.  of  trench 
was  dug  and  pipe  laid  per  day,  while  another  contractor  doing 
similar  work  by  another  method  averaged  only  from  35  to  50  ft. 
per  day. 

The  cost  of  driving  the  sheeting  and  pulling  it  for  the  300  lin. 
ft.  of  trench  done  per  day  was: 

Boss  timberman   ■..; $  2.§0 

Fireman  on  jet  pump 1.50 

One  man  setting  sheeting 2.00 

Two  helpers,   at  $1.50 x 3.00 

Three  men,  pulling  sheeting,  at  $1.50 4.50 

One  man  carrying  sheeting   1.50 

Two  men  bracing  trench,  at  $2.00  4.00 

One  man  pumping 1.76 

Coal  and  oil   j 1.00 

Total $21.75 

This  gives  a  cost  per  lin.  ft.  of  trench  of  7  ct.  for  driving  and 
pulling  sheeting,  and  as  there  was  6,080  lin.  ft.  of  sheeting  driven 
and  pulled  a  day,  it  makes  a  cost  per  lin.  ft.  of  sheeting  %  ct. 
With  2-in.  sheeting  used,  the  amount  of  timber  was  6,000  ft.  B.  M., 
which  cost  $26  per  M.  This  timber,  being  driven  with  a  water 
jet,  was  used  time  and  time  again.  The  soimd  piles,  which  were 
from  10  to  15  ft.  long,  cost  25  ct.  apiece,  and  the  cost  of  driving 
them  was  1.5  ct.  per  lin.  ft. 

The  cradle  for  the  pipe  was  built  by  two  men,  each  at  $2  per 
day.     They  built  200  lin.  ft.  per  day,  which  meant  a  cost  per  ft. 
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of  trench  of  2  ct.  The  amount  of  lumber  in  200  ft.  of  cradle  was 
866  ft.  B.  M.,  which  meant  a  labor  cost  for  framing  of  about 
$5  per  M.     The  lumber  cost  $26  per  M. 

The  daily  cost  of  digging  the  trench  and  backfilling,  and  of 
laying  the  ^ipe  was: 

Foreman,  10  hr $4.00 

-  Eight  men  digging,  at  J1.50 12.00 

Two  men  trimming,  at  jl.50 3.00 

One   engineman    '. 3.00 

One    pumper    .' 2.50 

Two  pipemen,  at  $2.00  4.00 

Coal,  at  $5.00  per  ton  1.25 

Rent  of  boiler   2.00 

Bent  of  pumps    2.50 

Kent  of  engine   2.00 

Two  pipelayers,  at  $2.00  4.00 

Two  pipe  carrjers,  at  $1.50  3.00 

One  man  on  mortar  and  jute  1.50 

Total    - $44.75 

Each  day  this  plant  excavated  about  200  cu.  yd.,  hence  the  cost 
of  excavation  per  cu.  yd.  was: 

Labor    $0,047 

Coal    0.006 

Plant  rental    0.032 

Total    $0,085 

This  is  equivalent  to  5.8  ct.  per  ft. 

This  is  a  very  low  cost  for  excavating  earth  from  a  trench  and 
backfilling  it. 

The  terra  cotta  pipe  cost  16  ct.  per  lin.  ft.  and  the  hauling  of 
it  cost  2  ct. 

The  total  cost  per  lin.  ft.  of  pipe  laid  was  as  follows,  exclusive 
of  manholes: 

Foreman    $0,013 

Excavating  and  backfilling  by  band   0.050 

Excavating  and  backfilling  by  pump; 

Labor    0.032 

Coal     .' 0.004 

Plant  rental 0.022 

Driving  sheeting    0.040 

Bracing  trench   0.013 

Pulling  and  carrying  sheeting 0.020 

Piles  in  place    • 0.105 

Cradle,   lumber  and  labor 0.132 

Pipe     0.160 

Hauling  pipe   0.020 

Laying   pipe    '. 0.028 

Materials  for  joints   0.013 

Total  per  ft $0,652 

This  cost  does  not  include  any  allowance  for  general  expense  noy 
for  the  materials  used  in  shoring  the  sides  M  the  trenches.    The 
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» 
sheeting  was  used  many  times,  as  driving  the  planks  with  a  water 
|et  did  not  injure  the  planks  or  break  them  up. 

The  cost  of  this  work  in  a  ground  difficult  to  excavate  is  ex- 
ceedingly low,  and  can  be  attributed  to  the  methods  used  in  carry- 
ing on  the  work.  > 

BackflUing  Trenches.  Backfilling  on  sewer  work  is  not  often 
given  the  consideration  that  its  importance  warrants.  If  the 
excavated  material  is  placed  on  both  sides  of  the  trench  it  is 
sure  to  be  walked  over  and  compacted,  often  requiring,  picking 
before  it  can  be  thrown  back  into  the  trench.  One  man  can  back- 
fill 20  cu.  yd.  of  loose  material  in  10  hours.  • 

It  is  frequently  specified  that  there  be  one  man  ramming  the 
earth  for  each  two  men  shoveling.  A  man  will  ram  40  cu.  yd.  of 
loose  earth  in  a  day.  In  heavy  clays,  two  rammers  to  a  shoveler 
are  often  required. 

It  is  a  mistake  not  to  tamp  around  the  pipe.  This  is  often 
omitte^d  because  of  fear  of  d,eranging  the  alignment  or  disturbing 
the  joints.  There  is  more  danger  of  this  being  done  through  un- 
even settling  of  the  backfill  if  this  tamping  is  omitted.  Tamping 
around  pipe  should  be  done  carefully  with  a  light  wooden  tamper. 

It  is  well  to  rememher  that  the  man  tamping  can  consolidate 
almost  as  much  earth  with  his  feet  as  with  the  ram,  and  that  it  is 
of  advantage  to  have  him  keep  moving  around. 

A  very  common  method  of  compacting  earth  in  trenches  is  iby 
puddling.it  with  water.  This  is  usually  cheap  and  effective. 
Care  must  be  taken  not  to  puddle  before  cement  work, has  had 
time  to  set.  Puddling  should  not  be  attempted  in  unstable,  ma- 
terials, such  as  muck  or  quicksand,  where  the  trench  bottom  will 
become  softened  with  the  water,  and  disturb  the  alignment  of,  the 
pipe.  ~~, 

There  are  a  number  of  ways  of  backfilling  trenches  besides  doing 
it  by  hand.  Plows  and  scrapers  of  various  kinds  are  used  with 
success  on  small  trenches.  In  open  fields  the  bank  carrying  the 
excavated  material  can  be  caved  in  with  a  hose  and  water,  thus 
filling  and  conipacting  at  the  same  time.  Work  done  in  this  man- 
ner will  require  finishing  by  hand  or  with  scrapers.  There  are  a 
number  of  light  traction  machines  on  the  market,  on  the  order  of 
dragline  excavators,  which  are  especially  designed  for  backfilling 
trenches. 

Where  backfilling  is  done  under  paved  streets'  the  proper  com- 
pacting of  the  fill  is  of  great  importance.  This  is  a  most  fruit- 
ful source  of  dispute  between  the  "  city  "  and  the  "  contractor." 
Valuable  suggestions  for  avoiding  this  trouble  will  be  found  in 
the  following  abstract: 
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Backfilling  for  Water  Pipe.  At  Corning,  N.  Y.,  a  trench  for  a 
10-in.  water  pipe  was  excavated  2^  ft.  Wide  X  5  ft.  deep,  X  1,500, 
ft.  long  =  000  cu.  yd.  in  4i^  days  by  24  men,  or,  at  the  rate  of 
6  cu.  yd.  per  man  per  10-hr.  day,  equivalent  to  11  ct.  a  running 
foot  or  25  ct.  a  cu.  yd.  The  backfilling  was  done  in  3  days  by  2 
men  and  1  horse  with  driver,  using  a  drag  scraper  and  a  short 
length  of  rope  so  that  the  horse  worked  on  one  side  of  the  trench 
while  the  two  men  handled  the  scraper  on  thc/opposite  side,  pull- 
ing the  scraper  directly  across  the  pile  of  earth.  In  this  way  200 
cu.  yd.  of  backfilling  was  made  per  day  at  a  cost  of  2i^  ct.  per  cu. 
yd.,  there  being,  no  ramming  of  the  backfill  required.  This  is  a 
remarkably  low  cost  for  backfilling,  and  one  not  ordinarily  to  be 
counted  upon.     The  material  was  a  loamy  sand  and  gravel. 

At  Rochester,  N.  Y.,  size  of  trench  and  kind  of  material  prac- 
tically the  same  as  at  Corning: 

1  man  excavated  8  eu.  yd.  a  day  at  cost  of  19  ct.  cu.  yd. 
1  man  backfilled  16  cu.  yd.  a  day  at  cost  of  9  ct.  cu.  yd. 
Total  cost  of  excavation  and  backfill  28  ct.  cu.  yd. 
Backfilling    Trenches    Under    Paved    Streets.     In   Engineering 
and  Contracting,  Oct.  9,  1907,  George  C.  Warren  gives  the  follow- 
ing recommendations  for  backfilling  trenches: 

In  the  case  of  permits  to  service  corporations,  plumbers  and 
property  owners,  to  cut  into  the  streets,  whether  paved  or  unr 
paved  (the  former  is  but  little  more  important  than  the  latter), 
'  it  is  only  necessary  to  stipulate  in  the  permit  that  "  The  trenches 
shall  be  backfilled  by  such  means  as  the  city  engineer  may  direct, 
depending  on  the  character  of  the  excavated  material,  in  such 
a  manner  that  all  excavated  material  shall  be  replaced  in  the 
trench  without  raising  the  grade  of  the  roadway.  Flushing  will 
only  be  permitted  in  cases  where  the  sub-soil  is  sand  or  gravel 
or  other  material  from  which  the  surplus  water  will  readily  drain 
away,  and  in  the  case  of  concrete  or  brick  sewers  or  pipe  sewers, 
the  joints  of  which  have  been  made  water-tight  with  bituminous 
cement  pipe  jointing  cement." 

In  the  case  of  contract  work  for  sewers,  etc,  the  case  is  more 
difficult  in  view  of  the  necessary  uncertainty  of  conditions  to 
be  met  underground,^  and  consequent  uncertainty  of  the  most 
economical  way  to  properly  "  back  fill "  the  trench  and  conse- 
quent impracticability  of  the  contractor  accurately  figuring  in 
advance  what  the  coat  per  lin,  ft.  will  be.  On  this  account  some 
contractors  are  sure  to  bid  far  too  low  to  permit  proper  work. 
Others  figure  "  safe ''  with  the  probability  that  if  they  receive 
the  contract,  the  total  price  will  be  too  much  alioye  the  estimated 
cost.     Id   one   case  the  city ,  has  the   almost   impossible   task  of 
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forcing  the  contractor  to  do  proper  work  at  a  loss.  In  the  other 
case  the  city  will  pay  too  much  for  the  work.  An  effort  should 
be  made  to  avoid  both  evils. 

My  suggestion  is  to  apportion  the  prices  in  such  a  way  that 
whatever  material  is  encountered  a  fair  price  will  be  allowed  the 
contractor  for  each  as  follows: 
'    (a)   Furnishing  and  setting  pipes  per  lin.  ft. 

(b)  Earth  excavation  per  lin.  ft.  (providing  for  varying  prices 
for  varying  depths  of  sewer). 

(c)  Rock  excavation  per  lin.  ft.  (providing  for  varying  prices 
for  varying  depths  of  earth).  • 

(d)  Hauling  excavated  material  to  spoil  bank  (if  imsuitable 
for  backfilling  and  its  removal  directed  by  the  engineer)  per  cu. 

-yd. 

(e)  Lumber  delivered  on  work  (if  any  is  required  for  shoring) 
per  M.~B.  M. 

(f)  Placing  and  replacing  (if  lumber  reused)  in  sewer  trench 
per  M.  B.  M. 

(g)  Refilling  trench  by  flushing  earth  excavated  from  trench 
per  cu.  yd. 

(h)  Refilling  trench  by  tamping  earth  excavated  from  trench 
per  cu.  yd. 

(i) Refilling  trench  by  flushing  suitable  borrowed  material  (to 
replace  unsuitable  excavated  material  drawn  to  spoil  bank  by 
order  of  engineer)  including  furnishing  the- material  per  eu.  yd. 
measured  in  the  wagons  as  material  is  delivered. 

(j)  Refilling  . trench  by  tamping  suitable  borrowed  material 
(conditions  the  same  as  item  "i"),  per  cu.  yd. 

(k)  Refllling  trench  with  rock  excavated  from  the  trench  per 
cu.  yd. 

Corresponding  with  such  a  schedule  of  prices  in  proposal  and 
contract,  the  speciflcatiohs  should  provide  as  follows: 

1st.  Material  excavated  from  the  trench,  which  in  the  Opinion 
of  the  engineer  is  unsuitable  for  backfilling,  shall  be  hauled  by 
the  contractor  to  a  spoil  bank  and  shall  be  paid  for  at  the  price 
bid  per  cu.  yd.  for  "  hauling  excavation  to  spoil  bank,"  meas- 
urement' to  be  made  in  the  wagons  at  point  where  loaded. 

2d.  Flushing  in  back  filling  will  be  permitted  only  in  case  the 
material  is  sand  or  gravel  or  other  material,  from  which  in  the 
opinion  of  the  engineer  the  surplus  water  will  readily  drain  away 
and  leave  the  earth  filled  solid. 

3d.  Except  where  flushing  is  directed  by  the  engineer,  the  back- 
filling shall  be  done  by  thorough,  hard  tamping  in  layers  not  ex- 
ceeding six  (6)  inches  in  depth.  Flushing  will  not  be  permitted 
except  in  cases  of  brick  or  concrete  sewers  or  pipe  sewers,  the 
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joints  of  which  have  been  made  water-tight  with  bituminous  pipe 
jointing  cement. 

4th.  Whether  backfilling  of  earth  is  done  by  flushing  or  tamp- 
ing, the  full  amount  of  material  excavated  from  the  trench,  less 
the  volume  of  the  sewer,  shall  be  refilled  into  the  trench  without 
raising  the  grade. 

5th.  In  case  rock  is  excavated  from  the  trench,  it  shall  be  baclc- 
fiUed  by  carefully  placing  the  excavated  rock  in  layers  with  suc- 
ceeding layers  of  fearth  well  flushed,  into  the  voids  between  the 
pieces  of  placed  rock. 

6th.  In  case  the  excavated  material  is  clay,  which  in  the  opin- 
ion of  the  engineer  is  too  wet  to  enable  solid  backfilling  by  tamp- 
ing, the  excavated  wet  clay  and  reasonably  dry  "  borrowed " 
earth  shall  be  tamped  into  the  trench  in  succeeding  layers,  using 
enough  of  the  dry  earth  to  overcome  the  excess  of  water  in  the 
clay  and  to  provide  a  solidly  filled  trench  to  the  satisfaction  of 
the  engineer.  The  "borrowed"  earth  including  tamping,  to  be 
paid  for  per  j3u.  yd.  of  "  borrowed  material "  tamped  into  the 
trench.  Measurement  of  the  borrowed  material  is  to  be  made  in 
the  wagons  as  delivered"  on  the  work. 

Handling  Backfill  in  Freezing  Weather.  The  following  in- 
structions given  by  C.  P.  Chase,  City  Engineer,  Clinton,  Iowa, 
were  published  in  Engineering  and  Contracting,  Aug.  4,  1909. 

(1.)  It  is  much  cheaper  to  thaw  out  ground  with  fire  or  steam 
than  to  pick  frost. 

(2.)  Watch  frozen  banks  for  caving  when  frost  goes  out.  It 
will  drop  all  at  once.  - 

(3.)  In  backfilling  frozen  ground  allow  20%  more  shrinkage 
than  when  dry.     (This  does  not  apply  to  rock.) 

(4.)  Cover  all  work  as  fast  as  laid  with  unfrozen  earth,  if  pos- 
sible. 

(5.)  Backfill  and  clean  up  as  close  to  work  as  possible  before 
excavating  materials  freeze. 

Methods  and  Cost  of  Backfilling.  The  cost  of  backfilling  de- 
pends upon  the  nature  and  condition  (whether  frozen,  wet,  packed, 
or  dry  powder)  of  the  material,  the  means  employed  for  back- 
filling, and  the  amount  of  tamping  required.  If  the  material  is 
left  in  the  spoil  pile  for  some  time  and  is  subject  to  rain  and 
the-  trampling  of  men  and  horses,  it  may  become  so  consolidated- 
as  to  cause  the  backfilling  to  cost  almost  as  much  as  the  original 
excavation.  When  backfilling  by  hand  the  men  should  not  stand 
upon  the  pile  and  shovel  from  beneath  their  feet,  but  should 
stand  at  the  edge  of  the  trench  or  ditch  and  should  excavate 
the  material  by  pushing  their  shovels  under  it.  When  the  ground 
surface  is  very  rough  it  will  pay  to  lay  down  steel  "  slick  sheets  " 
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for  the  excavated  earth  to  be  thrown  upon.  This  will  later  ma- 
terially decrease  the  cost  of  backfilling,  as  it  is  very  much  easier 
to  slide  the  shovel  along  the  smooth  surfaxje  of  the  "  slick  sheet " 
than  over  rough  ground.  An  efficient  man  shoveling  backfill 
material,  that  js  well  broken  up,  into  a  trench  not  over  3  or 
4  ft.  wide  or  6  or  8  ft.  deep,  will  handle  20  to  25  cu.  yd.  in  U)  hr. 
Observations  show  that  in  backfilling  average  loam,  clay  and 
sand  materials,  one  man  will  handle  9  shovelfuls  per  minute,  or 
about  0.045  eu.  yd.  or  1.2  cu.  ft.  per  minute.     This  is  at  the  rate 


Fig.  40.     Drag  Scraper  Backfilling  Trenches. 

of  27  cu.  yd.  per  10-hr.  day.  However,  interference  with  the 
work  and  periods  of  rest  required  by  the  men  will  reduce  this 
daily  output.  On  the  other  hand,  if  shovels  larger  than  No.  2 
or  3  are  used,  the  output  can  be  increased.  With  loosened  earth 
and  the  short  throw  required  in  backfilling  the  shovels  used  for 
backfilling  should  be  larger  than  those  used  for  excavation. 

In  shallow  trenches  a  team  and  scraper  can  drag  the  material 
directly  into  the  cut.  As  a  rule  the  scraper  is  operated  on  one 
side  of  the  trench  and  the  team  on  the  other,  the  scraper  being 
attached  to  the  horses  by  a  long  rope  or  chain,  and  being  pulled 
back  by, two  men.  Another  method  is  to  fill  in  narrow  runways 
by  hand  across  which  a  team  can  travel  and  to  dump  the  earth 
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as  close  to  the  side  of  the  runway  as  it  is  possible.  Fig.  40  il- 
lustrates this  method  as  used.  This  method  cannot  be  practiced 
successfully  with  any  but  the  steadiest  of  horses.  The  Doane 
and  Lehr  scrapers,  both  of  which  are  built  of  hardwood  sheathed 
with  iron,  are  used  for  backfilling  trenches.  Th6y  are  broad  and 
wide  and  dump  easily.  Buck  or  fresno  scrapers  can  be  used  for 
fillings  shallow  trenches.  A  wing  plow,  with  a  deep  and  long 
mold  board  can  be  used  where  a  neatly  finished  appearance  is  not 
necessary.  The  earth  being  piled  close  to  the  sides  of  the  trench 
is  thrown  in  by  the  plow  as  it  is  pulled  through.  The  horses 
may  be  worked  first  on  one  side  of  the  trench  and  then  on  the 
other,  or  they  may  straddle  the  trench  if  a  long  double  tree  is 
used.  This  is  the  cheapest  method  of  backfilling.;  In  sand  and 
light  clays  the  earth  may  be  caved  in  with  a  hose  and  water. 
This  method  also  Reaves  the  trench  with  a  bad  appearance,  and  it 
should  be  trimmed  off  with  scrapers. 


Fig.  i. 

Fig.  41.    Trench  at  Gary,  Ind. 


Fig.  41  illustrates  a  trench  in  sand  at  Gary,  Indiana.  The  top 
4  ft.  of  this  trench  were  excavated  with  scrapers,  and  the  re- 
mainder with  hand  shovels.  Engineering  and  Contracting,  Sept. 
8,  1908,  gives  the  following  data  relative  to  this  work, 

The  sheeting  was  of  slab  wood  cut  in  lengths  of  4  and  6  ft.  The 
lower  2  ft.  of  trench  being  free  from  sheeting  permitted  the  pipe 
laying  to  be  done  much  more  easily.  In  backfilling  the  trench 
dirt  was  shoveled  in  over  the  pipe  and  up  to  the  lower  waling; 
then  the  sheeting  was  taken  out  and  a  water  jet  turned  on  the 
banks ;  this  caused  them  to  cave  in,  bringing  down  into  the  trench 
the  excavated  material  piled  on  the  sides.  This  was  followed  by 
a  drag  scraper  that  leveled  up  the  ground.  The  cost  of  digging- 
this  trench  was  12  ct.  for  shoveling  per  cu.  yd.,  and  4^  ct. 
for  shoring,  making  a  total  cost^f  165^  ct.  for  excavating  and 
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shoring,  the  pumping  being  extra.  This  is  a  low  cost  for  exca- 
vating such  a  trench.  The  cost  of  backfilling  was  less  than  4  ct. 
per  cu.  yd. 

When  a  team  with  a  drag  scraper  attached  by  a  long  rope  is 
used,  about  15  cu.  yd.  per  hr.  can  be  handled,  provided  the  gang 
-is  efficient.  A  team  and  driver  and  two  laborers,  at  $1.20  an 
hour,  will  thus  scrape  earth  back  into  a  trench  for  8  ct,  per  cu. 

yd- 

Ernest  McCullough  gives  the  following  description  of  a  method 
of  using  a  hoisting  engine  and  a  scraper  to  refill  trenches.    The 


Fig.  42.     Doane  Scraper. 


hoist  is  set  at  one  end  of  the  street  and  a  cable  is  run  alongside 
the  trench  to  a  pulley  fastened  to  a  tree  (first  wrapped  with 
canvas  or  burlap  to  avoid- cha,fing)  or  to  postsi  From  this  pul- 
ley the  cable  goes  across"  the  trench  and  is  fastened  to  the  scraper 
which  is  larger  and  heavier  than  an  ordinary  drag  scraper,  and 
has  ropes  fastened  to  the  handles,  by  means  of  which  two  men 
haul  it  back  and  turn  it  over.  This  requires  an  engineman  who 
does  his  own  firing,  a  boy  to  signal  him,  and  the  two  scraper 
holders.  The  total  cost  for  labor,  fuel,  etc.,  is  about  $10  per 
day,  which  includes  interest  and  depreciation.  One  hundred  yards 
per  day  is  all  that  can  be  figured  on  steadily  on  an  average,  sp 
that  .the   cost  will   be   10   ct.  -per   yard.     By   adding   two   more 
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scraper  holders  and  working  the  men  in  10  or  15  min.  shifts,  as 
much  as  225  cu.  yd.  have  been  put  into  a  trench  in  10  hr.  It  is 
almost  necessary  to  have  an  old  horse  to  pull  the  cable  back  when 
the  men  haul  back  the  scraper,  or  else  have  a  double  cable  and  a 
tjickle.  When  the  horse  is  used  the  signal  boy  rides  him.  The 
increase  in  expense  is  not  great  and  it  lightens  the  wbrk  of  the 
scraper  holders. 

Backfilling  with  a  Keystone  Traction  Shovel  equipped  with  a 
ditcher  scoop  has  been  successfully  done  by  mounting  a  back- 
filling board  on  the  scoop  as  shown  in  Fig.  43.  In  this  way 
the  scoop  is  converted  into  a  power-operated  drag  scraper. 


Fig,   43.     Ditcher    Scoop  of   Keystone   Shovel   Equipped '  with   a 
Backfilling_,Board. 


A  Backfill  Drifting  Scraper.  Engineering  and  C/Ontracting, 
July  23,  1913,  gives  the  following:  This  scraper,  or  so-called 
"go-devil,"  Fig.  44,  was  used  for  backiflUing  a  .trench  on  a  154- 
mile  oil  pipe  line  near  Los  Angeles,  Cat.  The  machine  was  de- 
signed by  Jaines  R.  Kelly.  The  appliance  was  made  of  a -share 
from  a  road  grader  and  a  handle  was  attached  as  shown.  By 
means  of  chains  of  adjustable  length  tlie  machine  could  be  drawn 
by  4  horses.  The  labor  required  consisted  of  1  driver  and  1  guide- 
man.       ■ 

With  this  force  about  5,000  ft.  of  trench,  3  ft.  deep  and  1.5  ft. 
wide,  or  830  cu.  yd.  were  backfilled  per  day  of  9  hr.,  at  a  cost  as 
follows:  :  i 
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4  head  of  stock,  at  $1.50  ^^M 

1  driver f2x 

1  laborer ^-^ 

Total  at  1.6  ct.  per  en.  yd $13.50 

If  an  attempt  was  made  to  move  too  mucli  dirt  at  one  time 
great  difficulty  was  encountered.  Four  to  six  rounds  were  usu- 
ally necessary  for  backfilling  a. 3  or  4-ft.  trench. 


Section  BB 
Showtng  Shoe 


Enc&Cqnib 


Fig.  44.     Drifting  Scraper  for  Backfilling  Trench. 


'  The  Monahan  Backfilling  Machine.  This  is  described  in  En- 
gineering and  Contracting,  June  17,  1914. 

Fig.  45  illustrates  the  Monahan.  backfilling  machine  in  operation. 
This  machine  comprises  a  self-propelling  10-hp.  engine  and  boiler 
with  winding  drums,  and  a  bucket  or  scraper  that  slides  on  a 
frame  transversely.  This  bucket  has  a  hinged  bottom  or  apron 
that  is  tilted  in  operation  like  a  slip  scraper  in  filling.  The  tilt 
of  this  apron  governs  the  depth  of  spoil  removed.  This  bucket 
holds  about  ^  eu.  yd.  and  can  make  15  strokes  per  minute  on  the 
average. 

The  Parsons  Backfilling  Scraper  with  Caterpillar'  Traction. 
This  machine,  Fig.  46,  is  described  in  Engineering  and  Contract- 
ing, Apr.  12,  1916.  Its  center  of  gravity  is  low.  The  cable  pull 
is  from  the  under  side  of  the  drum  and  is  only  18  in.  from  the 
ground.  >   Thus  a  great  pull  can  be  exerled  without  overturning 
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the  machine;  A  lO-hp.  gasoline  engine  is  usedj  giving  a  speed  of 
!)5  it.  per  min.  on  the  liacUfiU  line  and  a  puir  of  3,5()0  lb.  The 
scraper  will  work  at  the  rate  of  four  loads  a  minute.  The  weight 
in  woi'king  order  is  4,800  lb.  This  machine  is  made  by  the  Par- 
sons Co.  of  Newton,  Iowa.  ; 

Cost  with  Austin  Backfiller.  According  to  Alvin  C.  Vogt 
in  Engineering  and  Contracting,  July  19,  1916,  one  of  three  back- 
filling machines  made  by  the  F.  C.  Austin  Co.  of  Chicago,  111., 
was  tised  on  sewer  work  in  Norwood  Park,  111.  The  trenches  were 
24  in.  -to  30  in.  wide  in  stiff  clay,  and  the  backfilling  was  heavy 


Fig.  45.     Monahan  Backfilling  Machine  in  Operation. 


work.  The  machine  has  a  10-hp.  gasoline  engine  and  is  self-pro- 
pelling. The  operating  ,'cost  was  :$10  per  day  and  the  average 
fill  has  been  600  ft.  of  10  to  16^ft.  trench  per  day.  The  machine 
referred  to  is  similar  to  the  Parsons  backfiller,  except  that  it  has 
ordinary  traction  wheels  instead  of  caterpillar  treads. 

The  ■  Waterloo  Backfiller.  Engineering  and  Contracting,  Oat. 
SI,  .1915;' gives  the  following;  ■ 

The  Waterloo  "  l)ouble-Quiek  "  gasoline  machine,  illustrated  in 
Fig.  47,  is  used  in ■  backfilling  trenches;  for  light  hoisting  opera- 
tions, hauling  overground  materials  such  a  heavy  timbers;;  load- 
ing, unloading  iand  placing : heavy  pipe,  valves,  etc.,  in  trenches; 
for  cleaning  sewers,  and  for  pulling  aerial  and  underground  cables. 
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The  machine  probably  finds  its  greatest  field  of  usefulness  in 
the  backfifling  of  trenches.  It  has  done  this  work  at  a  cost  as 
low  as  2  ct.  per  cu.  yd. 

'  The  essential  elements  of  the  machine  are  an  engine  and  a  wind- 
ing drum;  these  are  mounted  on  a  turntable.  This  table  swings 
easily  and  can  be  locked  in  any  one  of  four  position  to  permit 
the  use  of  the, winding  drum  from  the  front,  rear  or  sides  of  the 
■machine.  At  each  setting  of  the  turntable  the  scraper  is  readily 
operated  through  an  arc  of  90°.  A  dead-man  is  furnished  with 
the  machine  and  so  also  are  300  ft.  of  %-in.  manilla  rope  and  a, 
sheave.  The  machine  moves  along  the  trench  under  its  own 
power  by  means  of  the  rope  attached  to  the  end  of  the  tongue  and 


Fig.  46.     Parsons  Backfilling  Machine. 

passing  through  the  sheave  on  the  dead-man  and  back  to  the 
winding  drum.  A  ditching  scraper  also  comes  with  tlie  outfit. 
With  the  scraper  is  supplied  50  ft.  of  %-in.  steel  cable  which 
passes  to_  the  winding  drum.  The  trucks  are  standard  wagon 
gage  and  the  wheels  have  wide  tires.  The  total  shipping  weight 
is  2,630  lb.  A  414-hp.  gasoline  engine  furnishes  the  power.  The 
speed  can  be  varied  by  a  change  of  sprockets  on  the  crankshaft 
of  the  engine.  The  scraper  travels  150  ft.  per  minute  in  common 
soil  and  100  ft.  per  minute  in,  clay  soil.  Two  men  are  required 
to  operate  the  machine  when  backfilling ;  one  holds  the  scraper 
ari(|  the  other  the  single  controlling  lever. 

The  machine  in  operation  possesses  two  incidental  advantages 

of  importance.     It  can  be  set  on  lawns  or  parking  without  dam- 

■  aging  them  when  backfilling  dirt  piled  on  the  side  of  the  trench 

nearest  the  center  of  the  street.     In  such  cases  teams  cannot  be 
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used  for  it  is  not  permissible  to  drive  them  oyer  the  grass.  The 
hoisting  ability  of  the  machine  is  utilized,  also,  in  pulling  put 
trench  bracing  which  otherwise  would  fiave  to  be  left  in  the 
trench.  ' 

The  machine  is  built  by  the  Waterloo  Cement  Machinery  Cor- 
poration of  Waterloo,  la. 

J.  L.  Bridges,  in  Engineering  and  Contracting,  writes  as  fol- 
lows :  On  Center  and  High  Streets  in  Decorah,  Iowa,  about  1,500 
ft.  of  ditch,  8  to  131/^  ft.  deep,  6  ft,  wide  at  top   (necessary  be- 
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Fig.  47.    Waterloo  "Double  Quick"  Backfiller,  Plan  Showing 
Method  of  Operation. 

cause  blasting  caused  banks  to  cave)  in  nearly  solid  rock,  were 
filled  with  the  Waterloo  filler  and  two  men  in  six  days'  time. 
About  300  ft.  of  this  ditch  stood  open  from  November  to  April, 
and  I  have  never  seen  a  team  that  could  handle  a  scraper  under 
these  conditions;  There  has  been  considerable  work  in  the  alleys 
here  and  we  have  used  this  backfiller  very  successfully  where  it 
would  have  been  impossible  to  use  a  team  on  account  of  the  width 
of  the  alley,  it  being  only  19  ft.  between  buildings.  What  I  value 
the  most  is  the  fact  that  we  have  the  filler  on  the  job  all  the 
time,  wasting  no  time'  waiting  for  a  team,  thereby  keeping  the 
ditched  filled  ahead  of  rain  and  keeping  the  streets  open  to 
traffic. 

On  straight,  clean  work,  where  there  is  plenty  of  room  and 
'enough  to  keep  a  team  busy  steadily,  the  cost  of  backfilling  by 
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machine  is  approximately  one-half  of  the  cost  of  doiiig'  it  by  the 
team  and  scraper  method.  But  on  difficult  work,  and  for  short 
stretches  where  the  team  would  not  be  available  or  would  stand 
idle  a  part  of  the  time,  machine  work  costs  from  10  to  40% 
of  team  or  hand  work. 

At  Decorah,  la.,  we  used  four  machines,  following  two  Austin 
trenchers  and  five  hand  crews,  the  latter  working  largely  in  rock. 

At  Rockwell  City,  la.,  we  laid  13,600  ft.  of  4-in.  water  main  in 
a  6-ft.  trench  in  13  working  days,  using  two  trench  fillers,  at  a 
cost  of  1  ct.  per  ft.  for  backfilling.  The  backfillers  were  hitched 
tandem  following  tlie  trench  machine. 


Fig.  48.     Flushing  Trench;  Tamped  Walls  at  Intervals. 


Puddling  the  Backfill.  Engineering  and  Contracting,  May  1, 
1907,  gives  the  following. 

After  the  first  foot  of  backfilling  has  been  tamped  with  a  light 
tamping  stick,  the  remainder  of  the  material  should  be  shoveled 
in  and  should  be  tamped  in  6-in.  layers  by  not  less  than  one 
tamper  to  each  shoveler.  If  water  is  available  the  best  method 
is  to  build  hand  tamped  walls  across  the  trench  at  intervals  of 
about  25  ft.,  fill  the  space  between  the  walls  half  full  of  water  and 
then  shovel  the  earth  into  the  water. 

A.  trench  averaging  12%  ft.  deep  and  containing  a  48-in.  mEi,in 
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was  filled  in  the  following  manner:  The  trench  was  first  filled 
with  earth  to  within  about  1  ft.  of  the  top.  An  ordinary  fire 
hose  was  then  attached  to  a  hydrant,  the  play  pipe  being  about 
20  in.  long,  with  U^-in.  nozzle.  A  2-in.  meter  was  attached -which 
■allowed  only  about  75  gallons  of  water  a  minute  to  go  through  the 
hose.  The  pipe  was  shoved  down  into  the  trench  within  3  ft.  of 
the  bottom  and  the  water  turned  in  until  the  ground  settled. 
The  pipe  was  then  pulled  out  and  shoved  down  again.  When  the 
ground  stopped  settling  and  the  water  came  to  the  surface,  the 
operation  would  be  started  over  again  4  ft.  or  5  ft.  away,  zig- 
zagging along  the  trench.  After  a  sufficient  quantity  of  ^  water 
had  been  run  into  the  trench  it  was  evened  off,  the  top  material 
placed  and  rammed  and  the  trench  left  fairly  well  crowned. 
The  trench  in  this  case  was  7  ft.  wide  and  after  letting  it  -stay 
for  about  a  week,  a  steam  roller  was  run  over  it.  The  street 
was  said  to  have  been  left  in  as  good  condition  as  it  was  before 
the  excavation  was  begun. 

Tamping  Clay.  The  following  is.  from  Engineering  and  Con- 
tracting, Aug.  11,  1909, 

Clay  containing  a  little  moisture  is  ideal ,  material  in  which  to 
excavate  trenches,  but  is  extremely  difficult  to  compact  prop- 
erly when  nefilling.  As  ordinarily  placed  back  in  the  trench  it 
occupies  a  much  greater  space  than  it  did  before  being  disturbed, 
and  many  wagon  loads  must  be  wasted.  The  clay  placed  in  the 
trench  always  settles,  sometimes  occupying  years  in  the  process. 
Puddling  is  sometimes  tried,  but  this  method  is  only  successful 
when  the  clay  contains  a  large  amount  of  sand.  The  ^lest  method 
of  filling  clay  trenches  is  to  place  the  loose  material  in  thin 
layers  around  the  pipes,  tamping  it  carefully.  Then  put  in  loose 
material  another  foot  deep.  Pour  in  water  until  this  material 
is  barely  covered.  On  this  put  enough  material  to  hide  the  water 
and  tamp  it,  adding  dry  material  where  soft  spots  appear,  until 
the  mass  is  firm.  As  long  as  mud  appears  the  tamping  is  incom- 
plete. Then  deposit  another  foot  of  loose  filling,  cover  with  water 
and  tamp  as  before.  Repeat  these  operations  until  the  trench  is 
full.  If  the  work  is  properly  done  it  will  be  necessary  to  borrow, 
some  material  to  complete  the  filling. 

The  Cost  of  Backfilling  and  Tamping.  Engineering  Record, 
May  23,  1914,  gives  the  following:  The  data  were  gathered  by 
the  Construction  Service  Co.  Tamping  was  rigidly  enforced. 
When  water  could  be  obtained  sections  of  the  trench  were  dammed 
at  each  end,  the  trench  filled  with  water  and  the  earth  cast 
therein.  For  soils  other  than  clay  this  is  the  most  efficient  method 
of  compacting.  The  earth  composing  these  dams,  was  thoroughly 
tamped  by  hand.     In  one  case  water  was  used  exclusively  and  the 
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cost  of  backflUing  and  puddling  was  7.6  ct.   (exclusive  of  the  coat 
of  water),  wages  being  15 ^ct.  per  hr. 

Short  time  obsertations  on  work  gave  the  speed  of  tainping 
with  ordinary  hand  tampers  as  60  strokes  per  minute  or  1  stroke 
per  secondi     If  the  face  of  the  tamper  covered  a  fresh  place  in 


Fig.   49.     View   Showing   Construction   Tamping   Machine. 

the  trench  on  each  stroke  and  the  material  was  tamped  in  6-in. 
layers, ,  then  one  man  would  tamp  220  cu.  yd.  per  day.  This 
is  manifestly  impossible.  As  a  matter  of  fact,  the  tamper  is 
dropped  repeatedly  on  almost  the  same  spot,  and  one  man  will 
compact  about  the  same  amount  that  another  man  will  ba,ckfill, 
namely,  about  20  cu.  yd. 
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Where  the  material  is  stiff  dry  clay  and  compactness  is  in- 
sisted upon,  the  amount  tamped  will  be  very  small.  In  The 
Technio  of  1806  costs  of  tamping  are  given.  From  the  data  we 
have  deduced  the  fact  that  when  the  material  (clay)  was  rammed 
dry  in  4-in.  layers  the  amount  rammed  per  man  was  only  1.1  to 
2.8  cu.  yd.  per  day. 

The  Stanley  Tamping  Machine.  The  Stanley  power  tamping 
machine  is  illustrated  in  Fig.  49.  The  description  is  taken  from 
Engmeerimg  and  Contracting,  May  15,  1912,     The  tamper  is  lifted 


Fig.  50.     A  Pavement  Picking  and  Trench  Tamping  Machine. 


up  and  allowed  to  drop  by  a  siinple  mechanism  similar  to  that 
used  on  drop  hammers  in  forge  shops.  The  tamper  moves  auto- 
matically across  the  trench  and  the  movement  along  the  trench 
is  attained  by  moving  the  machine  forward  about  8  in.  As 
regularly  equipped  the  machine  will  work  in  trenches  1  to  4.5  ft. 
wide  and  tamp  at  a  depth  as  great  as  6  ft.,  but  can  be  furnished 
with  a  special  arm  enabling  it  to  reach  a,  depth  of  16  ft.  The 
machine  requires  a  crew  of  2  men  and  consumes  about  1:5  gal. 
of   gasoline  in    10  hr.     The   manufacturer   states   that   1,200   to 
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1,500  sq.  ft.  per,  hr.  can  be  tamped  by  the  machine.  If  the  ma- 
terial be  compacted  in  0-in.  layers,  and  assuming  that  50%  of  tlie 
time  is  lost,  and  that  wages  are  $2  per  day  of  10  hr.  and  gasoline 
costs  15  ct.  per  gal.,  then-125  cu.  yd.  can  be  tamped  per  day  at  a 
cost  of  5  ct.  per  ou;  yd.  The  weight  of  the  machine  is  950  lb. 
and  the  cost   (pre-war)   is  approximately  $300. 

The  P.  &  H.  Tamping  Machine.  Engineering  OMd  Oontrueting, 
Sept.  30,!  1914,  gives  the  following: 

This  machine,  Fig.  50,  was  made  for  purpose  of  providing  a 
rapid  and  economical  means  of  cutting  through  pavements  .where 
trenches  are  to  be  opened  and  also  to  tamp  backfilled  material Jit 
a  low  coat.  The  interesting  feature  of  the  macliine  is  the  ease 
with  which  it  may  be  converted  for  service  on  one  type  of  worlc 


Fig.  51.     Chisel  and  Pick  Heads  and  Tariiper  Head  for  Use  with 
Power  Piclting  and  Tamping  Machine. 


after  use  on  another  type.  The  only  change  necessary  consists 
in  substituting  the  pick  or  chisel  point  illustrated  for  the  tamp- 
ing head,  also  shown. 

A  recent  test  of  this  device  by  the  Wisconsin  Telephone  Co.  of 
Milwaukee  was  conducted  as  follows :  The  machine  was  equipped 
with  the  concrete  breaking  pick  and  was  tried  out  in  competition 
TVith  a  hand  pieliing  gang.  The  machine  removed  372  sq.  ft.  of 
6-in.  concrete  base  in  4l0  min.,  an  average,  of  0.91  sq.  ft.  p.  min- 
ute. By  handi  labor  one  man  removed  231^  sq.  ft.  in  71  min.,  an 
/average  of  0.33  sq.  ft.  a  minute. 

On  asphalt  tlie  machinp  cut,  64  lin.  ft.  of  groove  in  26%  min., 
a  rate  of  721^  lin.  ft.  an  hour,  or  in  square  yards  of  36  in.  wide 
., I  trench,  16  sq.  yd.  per  hour.  Hand  labor  cut,  in  one  case,;  6  lin. 
ft.  in  20  min.,  and  in  anqther  5  lin.  ft.  in  15  mjn.,  equivalent  to 
18  lin.  ft.  an  hour  or  2  sq.  yd.  ,of  surface  in  the  fiirst  case,  and 
20  iin.  ft.  or  2.22  sq.  yd.  an  hour,  in  the  second  case. 
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:  The  stroke  of  the  tamping  head  is  22  in.  (average),  the  total 
weight  of  head  and  ram  is  150  lb.,  and  about  45  strokes  per  min- 
ute are  made.  The  head  travels  a  distance  of  20  in.  across  the 
trench,  enabling  it  to  cover  a  trench  32  in.  wide,  When  in  use 
on  the  trench  the  machine  is;fed  forward  at  the  rate  of  6  to  15 
ft.  per  iminute,  and  when  traveling  on  the  road  1.33  miles  per 
hour  is  the  speed  attained.  This  machine  can  tamp  in  trenches  as 
wide  as  40  in.,  and  as  deep  as  7.5  ft.  ■  It  is  made  by  the  Pawling 
and  Harnischfeger  Co.  of  Milwaukee,  Wis. 

Kolling  Backfill.  Engineering  News,  May  25,  1911,  gives  the 
following: 

Rolling  backfill  is  sometimes  successful,  provided  the  trenches 
are  not  too  deep.     Fig.  52  illustrates  a  concrete  roller  used  for 


Fig.  52.     Concrete  Trench  Roller. 


compacting  telephone  duct  trenches.  After  the,  dupts  had  been 
laid,  6  in.  of  dirt  was  carefully  filled  in  around  them  and  tamped. 
;  Then  the  remaining  dirt  was  backfilled  in  layers  of  6  in.,  ea,ch 
layer  being  tamped  and  rolled  by  a  small  concrete  roller. 

On  another  section  the  earth  was  loosely  backfilled  and  crowned 
about  6  in.  above  the  roadway.  Then  a  10-ton  steam  roller  was 
put  on  and  the  trench  rolled.  It  is  doubtfill  if  this  method  of 
rolling  the  surface  compacts  the  earth  to  a  depth  greater  than  a 
few  inches  or  a  foot. 

Trench  Tamping  with  Pneumatic  Rammers.  C.  M.  Hartley, 
in  Engineering  and  Contracting,  June  7,  1916,  gives  the  following: 

Where  compressed  air  is  available,  the  Crown  floor  rammers 
(type  22-SR),  manufactured  by  the  Ingersoll-Rand  Co.  of  New 
York,  may  be  used  to  good  advantage.  These  machines,  which 
consume  28  cu.  ft.  of  free  air  per  minute  at  a  gage  pressiire  of 
100  lb.  per  sq.  in.,  are  easily  operated  by  one  man,  who  does  not 
need  to  be  a  skilled  laborer,  and  they  do  not  require  any  great 
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amount  of  care  to  keep  them  in  order,  aside  from  cleaning' and 
oiling. 

Comparative  tests  of  hand  tamping  and  machine  tamping 
have  shown  that  the  cost  of  the  latter  is  about  one- third'  the 
former,  and,  at  the  same  time,  the'  backfill  is  much  better  tamped.. 

We  have  backfilled  a  50-ft.  section  of  trench,  24  in.  deep  and 
20  in.  wide,  containing  6.3  cu.  yd.,  in  one  hour,  with  three  men 
shoveling  and  six  men  hand  tamping.  This  backfilling  cost  $1.80, 
or  28  ct.  per  cubic  yard,  and  this  ratio  of  tampers  to  shovelers 
insures  good  tamping.  The  hand  tamping  cost  in-  this  instance 
was  19  ct.  per  cu.  yd. 
'  Another  50-ft.  section  27-in.'  deep  and  20-in,  wide,  containing 
7.1  cu.  yd.;  was  backfilled  and  machine  tamped  in  one  hour^  four 
men  shoveling  and  one  man  running  the  rammer.  I  have  never 
seen  earth  filling  better  compacted  than  it  is  by  these  tampers. 
The  cost  of  this  backfilling  was  18  ct.  per  cu.  yd.,  and  of  the  tamp- 
ing alone,  6.9  ct.  per  cu.  yd. 

Other  tests  have  verified  these  figures,  and  we  have  found 
thati  as  a  rule,  the  cost  of  tamping  with  these  pneumatic  ram- 
mers, on  this  class  of  work,  is  about  7  ct.  per  cubic  yard. 

Bibliography.  "  Sanitary  Engineering,"  E.  C.  S.  Moore  and 
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CHAPTER  XVII 
DITCHES  AND  CANALS 

Types  of  Ditches.  The  word  ditch  is  here  used  to  indicate  a 
small  artificial  open  channel  for  the  passage  of  water.'  A  "  ditch  " 
dug  for  the  purpose  of  holding  an  earth  covered  pipe  conduit 
should  be  called  a  trench. 

The  sides  of  ditches  are  sloped  or  so  finished  that  they  will 
withstand  the  action  of  water  or  the  elements,  while  the  sides  of  ' 
trenches  have  to  be  trimmed  only  enough  to  permit  the  use  of 
sheeting  or  the  entrance  of  the  structure  they  are  to  contain. 
Large  drainage  and  irrigation  ditches  are  often  called  canals. 
Ditches,  however,  are  channels  with  sufficient  slope  to  discharge 
the  waters  they  receive  so  rapidly  that  they-  will  ordinarily  be 
empty,  whereas  canals  are  channels  of  little  slope  whose  slow  rate 
of  discharge  makes  them  flow  full  continuously. 

The  classes  of  ditches  commonly  constructed  are  as  follows: 

Drainage  Ditches  are  meant  to  carry  water  in  the  open  ditch, 
fpr  drainage  purposes.  When  such  ditches  become  wide  and  deep, 
they  are  no  longer  known  as  ditches,  but  are  termed  canals,  al- 
though both  in  drainage  and  irrigation  system!s,  all  lateral  canals 
are,  as  a  rule,  called  ditches.  Thus  a  ditcTi  in  one  system  may  be 
of  larger  size  than  a  canal  in  some  other  system. 

Gopher  Ditches  are  small  underground  channels  made  with 
special  plows.  Their  construction  is  possible  only  in  certain 
spils. 

Irrigation,  Ditches.  The  remarks  on  drainage  ditches  are  ap^ 
plicable  to  irrigation  ditches.  However,  in  irrigation  work  there 
are  small  ditches  used  between  rows  of  trees  and  plants  that  tap 
the  lateral  ditches  and  carry  water  to  the  roots  of  the ,  plants. 
Such  ditches  are  made  by  hand  or  with  a  light  turning  plow,  or 
some  sort  of  scraper. 

Double  Levee  Ditches  are  a  special  type  of  irrigation  ditch 
used  where  the  land  is  very  fla,t.  Parallel  levees  are  built  of 
material  taken  from  both  inside  and  outside  of  the  proposed 
canal,  and  water  is  carried  between  these  levees  at  a  height 
sufficient  to  flood  the  adjoining  land. 

"  Roadbed  Ditches.  Ditches  are  excavated  for  drainage  purposes 
in  connection  with  both  wagon  roads  and  railroads.'  Small 
ditches  are  always  made  in  cuts.  For  railroads  these  ditches 
are  usually  made  12  in.  deep,  12  in.  wide  on  the  bottom  and 
with  1  to  1  slope  on  the  aides,  making  a  ditch  3  ft.  wide  on  top. 
This  is  for  cuts  through  earth.  Some  engineers  use  the  same 
size  and  kind  for  wagon"  roads,  but  as   a   ditch   of  this  shape. 
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has  to  be  excavated  by  hand,  the  shaipe  is  changed  on  wagon 
roads  so  that  tliey  can  be  excavated  by  plows,  scrapers,  road  ma- 
chines or  elevating  graders.  This  is  done  by  carrying  the  slope 
of  the  roadbed  to  meet  a  shoulder  of  the  side  of  the  cut,  thus 
forming  a  V-shaped  ditch. 

Surface  Ditches  are  excavated  to  prevent  rain  water,  froin 
running  into  railroad  or  wagon-road  cuts,  or  against  embank- 
"  ments.  TJipse  are  generally  small  ditches,  with  the  sides  sloped, 
and  are  excavated  by  hand,  the  material  from  the  ditch  being 
thrown  on  the  side  of  the  ditch,  between  the  ditch  and  the  ob- 
ject it  is  to  protect.  Like  roadbed  ditches,  these  are  paid  for 
by  the  cubic  yard  of  material  excavated.  These  surface  ditches 
are  often  termed  .berme  ditches,  but  the  author  believes  they 
should  be  called  surface  ditches  in  order  to  distinguish  them 
from  the  ditches  described  in  the  next  paragraph. 

Berme  Ditches.  In  building  railroad  and  wagon-road  embanks 
ments,  the  material  is  often  obtained  from  ditches  on  each  side  of 
the  embankment,  leaving  a  berme  from  4  to  10  ft.  wide  beteween 
the  toe  of  the  embankment  and  the  ditch.  This  berme  gives  the 
ditch  its  name.  These  ditches  are  excavated  by  hand,  by  scrapers 
and  with  elevating  graders. 

Power  Ditches  are  channels  for  carrying  water  from  a  dam  or 
stream  to  a  power  generating  plant  or  mill,  and  for  taking  the 
water  away  from  the  plant  if  it  is  not  emptied  directly  into  the 
stream.  When  used  in  connection  with  mills  they  are  termed 
mill  races,  and  the  ditch  carrying  away. the  water  is  called  the 
tail  race.  For  electrical  power  generating  plant  the  power  ditch 
carries  the  water  to  a  pressure  pipe  or  penstock  or  a  penstock  pit. 
Such  ditches  are  lined  Vhen  it  is  necessary  to  prevent  wasting 
water. 

Military  Trenches  are  really  ditches,  as  they  are  not  excavated 
with  the  intention  of  filling  them  in.  They  are  excavated,  and 
the  earth  thrown  up  on  the  side  of  the  ditch  towards  the 
enemy  to  protect  the  soldier.  The  earth  tkrown  up  is  known  as 
a  breastwoi'k.  For  temporary  purposes  the  ditch  is  made  wide 
and  deep  enough  to  obtain  enough  earth,  so  that  when  it  is 
pUedup  it  will  stop  a  bullet,  the  soldier  lying  down  or  kneeling 
behind  the  breastworks  in  the  trench. 

A  Sap  is  a  type  of  military  trench,  less  used  now  than  for- 
merly, which  is  dug  by  specially  trained  soldiers  in  advancing 
against  an  enemy  under  Are.  Saps  are  dug  advancing  toward 
the  enemy  in  an  inclined  direction,  and  changes  of  direction  are 
made  at  short  intervals  to  avoid  enfilade  fire  down  the  trench. 
The  work  is  advanced  without  exposing  the  men  to  fire  and  in 
order  that  it  may  be  done  as  rapidly  as  possible  the  advance  man 
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works  lying  down  and  excavates  a  trench  15  in.  deep  ahead  of 
himself.  A  second  man  works  kneeling,  and  others  follow  who 
deepen  and  widen  the  trench  until  troops  can  pass  through  it 
comfortably. 

Rifle  Pits  are  small  ditches,  long  enough  to  protect  one  or 
two  men. 

Reducing  the  Cost  of  Drainage  Excavation.  Engineering 
Record,  Dec-.  26,  1914,  gives  the  following: 

The  reclamation  of  488,000  acres  of  land  in  the  Little  River 
Drainage  District  in  the  southeastern  part  of  Missouri  involves 
the  construction  of  many  miles  of  flood-water  diversion  channels 
and  impounding  levees  and  624  miles  of  open  ditches  for  local 
drainage.  These  require  a  total  excavation  of  about  42,800,000 
cu.  yd.  of  material.  In  general  the  material  is  excavated  and 
deposited  in  final  position  at  one  operation  by  floating  dredges, 
mainly  of  the  dipper  type,  at  an  average  contract  price  of  7.7 
ct.  per  eu.  yd.,  exclusive  of  the  cost'  of  clearing  the  land. 

This  work  is  located  in  a  territory  averaging  10  miles  wide 
and  90  miles  long,  most  of  which  is  continually  or  frequently 
submerged  and  is  covered  with  a  heavy  second  growth  of  tim- 
ber. There  is  a  wide  variation  in  the  dimensions  of  the  ditches 
and  channels,  which  range  in  bottom  width  from  4  to  123  ft. 
and  in  depth  up  to  12  ft.  Much  of  the  work  is  too  small  for 
large  dredges  and  too  large  for  small  ones  to  handle  to  the  best 
advantage.  Notwithstanding  these  conditiotis,  prices  satisfactory 
to  the  supervisors  were  obtained,  chiefly  through  the  method 
employed  of  classifying  the  work  and  arranging  the  contracts  so 
that  they  could  be  handled  advantageously  and  be  adapted  to 
continuous  work  by  given  units  of  plants.  The  fact  that  dipper 
dredges  could  be  used  for  a  large  part  of  the  excavation  helped 
keep  the  cost  down. 

The  diversion  work,  consisting  of  deep  wide  channels  and  high 
levees,  involved  8,621,.591  cu.  yd.  of  estimated  excavation.  •  The 
bulk  of  it  was  divided  into  two  nearly  equal  contracts.  The  local 
drainage  work  involved  about  34,208,101  cu.  yd.  of  estimated  ex- 
cavation and  was  divided  into  27  contracts,  awarded  to  12  dif- 
ferent bidders. 

Governing  Considerations.  The  classification  and  allotment  of 
contracts  was  governed'  as  much  as  possible  by  five  principal 
considerations:  (1)  division  of  the  work  into  units  with  chan- 
nel dimensions  particularly  adapted  to  a  standard,  type  of 
machine,  (2)  allotment  of  sufficient  yardage  to  each  contract  to 
give  at  least  2%  years'  work  to  a  suitable  machine  and  thus 
make  the  contract  attractive,  (3)  location  of  an  accessible  buildr 
ing  site  on  some  railroad  at  or  near  the  head  of  each  contract, 
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( 4 )  '  provision  for  uninterrupted  transportation  of  fuel  to  the 
excavating  machines,  and  (5)  elimination,  as  far  as  possible,  of 
all  upstream  work. 

The  2%-year  duration  of  contracts  was  unobjectionable  for  the 
srnaU  work.  On  the  large  work,  where  the  bottom  widths  range 
from  81  to  123  ft.,  there  is  required  a  41^-yd.  excavating  bucket 
and  a  100-ft.  boom  which,  with  its  supplementary  equipment,  will 
cost  from  $40,000  to  $7o,000,  and  in  order  to  reduce  the  cost  per 
yard  to  reasonable  limits  an  amount  of  work  is  required  that 
necessitates  the  continuous  operation  of  the  plant  for  a  long  time. 
For  these  contracts  this  time  was  figured  at  three  yeara^  except 
in  one  instance  where  time  limit  was  40  months. 
,  In  classifying  drainage  bids  there  is  great  advantage  in  di- 
viding the  work  into  contracts  before  making  the  estimates  of 
cost,  because  the  combinations  of  different  classes  of  work  greatly 
modify  their  unit  costs.  For  instance,  a  canal  with' a  bottom 
width  of  4  ft.  may  be  8-ct.  work;  but  when  such  work  is  placed  in 
the  same  contract  with  ditches  having  25-ft  bottom  widths,  the 
cost  of  the  4-ft.  width  may,  be  much  increased  because  the  re- 
quired width  of  a  dredge  suitable  to  excavate  the  25-ft.  canal  will 
be  much  greater  than  that  for  the  4-ft.  canal,  and  will  necessi- 
tate considerable  excess  excayation. 

Dressing  the  Sides  of  Ditches.  The  dressing  up  of  the  sides  of 
ditches  is  done  for  an  entirely  different  reason  than  in  the  case 
of  trenches.  As  ditches  are  to  remain  open,  there  are  few  cases 
where  the  sides  should  not  only  be  well  dressed  but  also  sloped.. 

The  side  slope  is  expressed  as  a  ratio  of  horizontal  to  vertical 
measurement..  Thus  a  "  2  to  1  slope"  has  a  vertical  rise  of  1 
ft.  in  2  ft.  horizontal. 

Difches  dug  for  irrigation,  drainage  and  for  power  purposes 
should  be  made  full  size,  and  the  banks  should  be  sloped  and 
dressed.  A  1  to  1  slope  is  very  commonly  used,  although  this  is 
varied  from  ^  to  1  to  2  to  1.  Such  slopes  should  be  dressed  up 
and  trimmed,  as  the  ditches  can  be  kept  clean  easier. 

For  irrigation  and  other  purposes  it  is  frequently  necessary  to 
line  ditches.  Measurements  of  loss  by  seepage  made  on  a  large 
number  of  irrigation  ditches  in  California,  show  an  average  loss 
on  main  canals  of  about  1%  for  each  mile  that  water  is  carried. 
On  laterals  in  some  cases  the  loss  amounted  to  11  and  12%  per 
mile.     At  times  the  loss  has  exceeded  50%. 

In  gravelly  soil  the  loss  is  always  excessive,  and  the  water  so 
lost  from  irrigation  ditches  and  canals  is  more  than  waste4i  as 
this  water  collects  on  lower  lands,  filling  the  soil  and  souring  it, 
drowning  the  roots  of  trees  and  plants,  and  when  it  collects  in 
pools,  furnishing  a  place  for  the  breeding  of  mosquitoes.     The 


DITCHES  AND  CANALS 


907 


reader  is  referred  to  Engineering  and  Contracting,  Dec.  2,  1908, 
for  seepage  data. 

The  lining  of  ditches,  besides  preventing  loss  by  seepage,  ac- 
complishes three  other  purposes.  First,  the  ditch  can  be  kept 
clean  easier.  The  smooth  lining  does  not  impede  the  suspended 
matter  as  readily  as  does  an  unlined  ditch,  nor  do  weeds  and  grass 
grow  in  the  ditch  to  become  a  deposit  of  decayed  vegetable  mat- 
ter.    The  actual  work  of  cleaning  out  the  ditch  is  also  easier. 

If  a  ditch  is  not  lined,  the  edge  of  the  ditch,  even  if  it  is  made 
a  straight  line  when  constructed,  soon  becomes  uneven  and  grown 
up  with  weeds  and  brush.     This  impedes  the  flow  of  water. 

The  third  effect  of'  a  lined  ditch  is  to  prevent  the  water  from 
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washing  the  ditch  deeper  and  scouring  its  sides  or  banks.  Not 
only  does  the  water  in  the  ditch  do  this,  but  rain  water  falling 
on  or  near  the  banks  washes  tbem  badly.  However,  a  ebeap  lining 
will  often  prevent  this  as  well  as  a  more  expensive  kind.  A  djy 
stone  paving,  or  even  crushed  stone  spread  over  the  bottom  and 
sides  of  the  ditch  will  serve  for  this  purpose. 

An  Irrigation  Canal  Slope  Trimmer.  Engineering  a^d  Con- 
tracting, May  3,  1916,  gives  the  following: 

The  device,  Fig.  1,  is  a  three-handled  push  knife  12  ft.  long, 
The  handles  are  1%-in.  pipe.  The  practice  is  to  set  to  exact 
slope  down  the  bank  and  10  ft.  apart  114-in.  T,  girders.  The 
trimmer  is  set  on  these  tee  tracks  at  the  top  of  the  sl^pe  and 
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pushed  by  the  handles  down  slope,  thus  shaving  the  earth  to  an 
exact  plane  between  the  tees  or  girders.  This  trimmer  showed 
considerable  saving  in  labor  compared  with  men  using  shovels. 
It  was  designed  by  U.  S.  Reclamation  Service  Engineers  of  the 
Carlsbad  Project. 

Hand  Excavation:  The  appliances  described  in  Chapter  XVI 
are  meant  for  trench  workj  but  some  of  them  are  also  adapted 
to  ditch  construction. 

In  sand,  ditches  can  be  dug  entirely  with  a  shovel.  For  this 
purpose  a  long  handle  shovel  should  be  used  with  a  large- squire 
blade.  Faster  and  cheaper  WQr)i  can  be  done  by  wetting  the  sand, 
Whenever  it  is  possible  to  do  so,  before  the  material  is  excavated, 
as  much  larger  shovelfuls  can  be  handled. 

In  digging  ditches  for  drainage  work  the  ground  is  always 
wet  and  frequently  i$  saturated  with  water.  The  ordinary  shovel 
for  such  work  is  not  a  good  tool  as  more  spading  is  done  than 
shoveling.  Hence  a  spade  is  preferable.  The  short  handled 
spade  is  in  common  use,  though  more  eflScient  work  can  be  done 
in  many  cases  with  a  long  handled  tool.  With  a  solid  blade  in 
wet  material  the  spade  is  difficult  to  handle,  as  the  suction  on  it 
causes  either  very  slow  work  or  else  breaks  the  tool.  For  this 
reason,  the  skeleton  blade  for  a  spade  has  come  into  common 
use,  as  with  it  this  suction  does  not  occur;  and  not  only  is  rapid 
work  done,  but  there  is  little  chance  of  breaking  the  spade.  The 
blade  is  also  made  much  longer  than  the  ordinary  shovel  blade, 
so  that  it  is  poasiblei  to  dig  a  narrow  and  sliallow  trench,  except 
the  finishing,  with  this  spade  at  one  stroke  of  the  tool. 

With  a,  spade  in  soft  materials  a  pick  or  mattock  is  not  needed^ 
as  both  the  shoveling  and  digging  are  done  with  the  spade. 
In  wet  plastic  material  the  pick  is  of  little  use;  a  mattock  does 
better  work.  A  mattock  is  also  needed  where  roots  or  old  stumps 
are  encountered.  It  is  also  ijsed  to  trim  the  sides  of  open  ditches, 
which  should  always  be  given  good  smooth  slopes. 

Spading  Wet  Soil.  When  ditching  in  wet  ground,  filled  with 
grass  roots,  making  hard  spading,  L.  Z.  Jones,  in  the  transac- 
tions of  the  Illinois  Society  of  Engineers  and  Surveyors,  1903, 
says  that  a  vnarrow  bladed  hay  knife  should  first  be  used,  pushing 
it  as  deep  as  possible  along  each  side  of  the  trench.  This  cuts 
the  roots  so  that  each  spadeful  has  one  side  free.  A  three  cor- 
nered piece  of  earth  should  then  be  spaded  out,  the  spade  being 
turned  right  and  left  alternately.  This  makes  easy  digging.  A 
flat  spade  should  not  be  used,  for  it  will  not  hold  sufficient  earth. 
Use  a  long-handled  round  point  mining  shovel  with  an  air  hole 
in  the  n^iddle  to  facilitate  the  removal  of  wet  soil,  and  a  long  or 
short  ditching  spade  according  to  the  depth  of  cut.     In  tough 
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clays  nothing  equals  the  three-tined  skeleton  spade^  as  this  enters 
easily  and  is  self-cleaning.  To  remove  the  loose  earth  from  the 
hottom  of  the  ditch  use  a  tile  scoop  or  cleaner.  One  can  be  made 
from  an  old  scoop  shovel  by  bending  it  like  a  sun-bonnet,  and 
riveting  on  a  bent  shank  so  that  the  scoop  will  hang  like  a  hoe. 
Fasten  the  shank  to  the  large  end  of  a  buggy  shaft  and  put  a 
D-handle  on  the  small  end  of  the  shaft.  Have  all  tools  very 
sharp. 

Special  Sitcbing  Machines.  Although  every  type  of  equipment 
is  used  with  success  in  digging  ditches  the  following  classes  of 
machinery  are  specially  adapted  to  this-  sort  of  excavation : 


Fig.    2.     Buckeye   Traction    Ditcher    for    Open    Ditches. 


Wheel  Excavators.  These  are  similar  to  the  trenching  ma- 
chines described  in  the  last  chapter  except  that  instead  of  having 
their  excavating  buckets  fixed  on  a  chain  they  carry  them  at- 
tached to  a  wheel,  like  spokes.  The  buckets  move  in  the  line 
of  the  ditch. 

Template  Ditch  Excavators.  These  >  excavate  by  means  of 
buckets  moving  across  the  line  of  the  ditch. 

'Land  Dredges  of  the  drag  line  and  steam  shovel  types  specially 
mounted  for  ditch  work. 

Capstan  Plows.     These  are  heavy  i)lows  drawn  by  cables. 

Buckeye  Excavator  for  Open  Ditches.  Fig.  2  shows  this  ma- 
chine.    Two  men  are  required  to  operate  the  machine,  besides  one 
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man  with  horse  and  wagon  to  haul  fuel  and  water.  For  a  12-ton 
machine  only  800  lb.  of  coal  are  needed  per  10-hr.  da^. 

With  this  plant  and  crew  a  ditch  3^4  ft.  deep,  2  ft.  bottom,  and 
4^  ft.  top  was  excavated  at  the  rate  of  5  lin.  ft.  per  min.,  work- 
ing in  wet  and  very  soft  ground  at  Raceland,  Louisiana. 

The  ditcher  is  self-propelling  and  can  be  used  for  draining 
swampy  lands,  for  cleaning  out  old  ditches,-  and  for  digging  the 
side  ditches  for  roads. 

Cost  of  Operating  Wheel  Type  Excavators  in  Drainage  Ditch- 
ing. D.  L.  Yarnell  in  Engimeermg  and  Contracting,  June  26, 
1916,  gives  the  following: 


i.^m^ 


Pig.  3.     Rear  View  of  Ditcher. 


Two  machines  of  the  wheel  type  designed  to  cut  a  ditch 
4  ft.  deep,  4  ft.  wide  at  the  top,  and  2  ft.  wide  at  the  bottom, 
jvere  used  on  the  excavation  of  some  ditches  in  one  of  the  Gulf 
States.  Each  machine  was  driven  by  a  28-hp.  gasoline  engine. 
The  digging  wheel  was  15  ft.  in  diameter  and  the  two  apron 
tractors  each  5  ft.  by  12  ft.  The  weight  of  each  excavator 
was  about  30  tons.  The  first  cost  of  the  machine  was  $5,500 
and  freight  to  the  point  of  use  was  $338,  making  the  total  cost 
of  each  machine  $5,838.  The  soil  was  a  hard,  yellow,  sandy  clay 
overlain  by  a  turfy  muck,  varying  in  depth  up  to  2%  ft.  The 
tiirf  was  easily  cut,  but  the  hard  clay  caused  excessive  wearing 
on  the  bearings.     A  largo  part  of  the  work  was  done  when  water 
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was  from  2  to  3  ft.  deep  on  the  land.  The  total  length  of  the 
ditches  dug  was  165  miles,  the  average  length  of  ditch  being  2,475 
ft.  The  average  depth  of  digging  was  about  4  ft.,  with  a  4-ft. 
top  and  2-ft,  bottom.  The  average  distance  dug  per  shift  of  10 
hr.  of  actual  running  time  was  2,250  ft.;  the  maximum  distance 
dug  in  10  hr.  was  6,600  ft.  Thei  average  yardages  per  month 
for  the'  two  machines  were  13,245  and  13,180  cu.  yd.,  respectively. 
The  average  daily  outputs  on  the  basis  of  the  actual  running  time 
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Fig.  4.     Large  and  Small  Ditch  Sections  Possible  with  the  Same 

Machine. 


were  1,000  and  1,126  cu.  yd.,  respectively.  A  part  of  the  time 
the  first  machine  ran  a  double  shift,  which  accounts  for  the  higher 
monthly  and  less  daily  average.  It  required  13  months  to  com- 
plete the -work,  the  actual  time  of  operation  being  about  half  this. 
On  account  of  the  excessive  wearing  on  the  bearings,  caused  by 
the  heavy  sandy  clay,  it  was  necessary  to  make  frequent  stops  for 
rebuilding  the  machineSj  which  operation  occupied  an  average  of 
nearly  two  weeks.     The  total  excavation  was  317,162  cu.  yd. 
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'   The  .daily  operating'  expense  per  10-hr.  shift  for  each,  macluiie 
was  about  as  follows : 

One  operator,  at  $100  per  month  ^  J  4.00 

One  assistant 2.00 

50  gallons  gasoline,  at  16  ct ^ 8.00 

Repairs C-CO 

Other  charges    • 12.00 

Total  per  day    $32.00 

The  itemized  cost  for  operation  for  the  entire  work  wag  as 
follows : 

Labor $  5,172.11 

Interest,   discount,    and  exchange    202.06 

Maintenance  and  repairs    2,860.08 

General  expense    ^ 273.10 

Hauagement  expense   1,600.00 

Provisions  and  cooking  (cook's  wages) ,.,2,245.91 

Freight  and  express 75.74 

Towing     , 458.19  , 

Gasoline 1,792.22    - 

Other  oil   281.49 

Teams  and  livery 932.11 

Telephone   and  telegraph    25.29 

Motor   boat   operation,  -• 540.96 

Interest  and  depreciation  on  machinery   5,185.00  ' 

Total  at  6.82  ct.  per  cu.  yd.   $21,644.25 

Machine  Machine 

No.  1.  No.  2. 

Running  machine $   917.97  $1,509.66 

Repairing' machine   1,431.37  771.96 

Moving    machine    105.20  88.51 

Machine  bogged 156.90  190.54 

Total      $2,611.44  $2,560,67 

The  excessive  cost  of  labor  given  for  the  machines  when  bogged 
was  due  to  the  frequent  crossings  of  a  wide,  muck-filled  bayou 
which  ran  .the  entire  length  of  the  district.  This  bayou  was  about 
1,500  ft.  wide;  the  muck  ranged  from  5  to  15  ft.  and  was  very 
soft.  No  tree  roots,  submerged  timber,  or  stumps  were  en- 
cotintered.  The  work  covered  an  area  of  about  7,000  acres,  ap- 
proximately square,  which  was  traversed  by  parallel  canals  every 
half  mile.  The  ditches  cut  by  the  excavators,  were  at  right 
angles  to  these  canals  and  were  spaced  330  ft.  apart.  It  was  thus 
necessary  to  turn  the  machine  around  and  run  it  light  330  ft. 
for  each  half  mile  of  ditch  cut.  The  item  "  moving "  is  for 
taking  the  machine  across  the  canals  and  for  moving  from  one 
part  of  the  district  to  another;  it  does  not  refer  to  the  moving 
between  adjacent  ditches. 

Another  machine  worked  on  comparatively  solid  ground.  Power 
was  supplied  by   a  28-hp.   gasoline  engine.     The  first  cost  was 
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$4,000,  and  freight  charges  from  factory  to  works  were  $350. 
After  the  machine  had  been  operated  for  a  short  time  it  became 
apparent  thati  the  excavating  wheel  was  far  too  light  and  a  new 
wheel  was  substituted.  The  soil  wap  a  silt  loam,  firm  and  uni- 
form but  not  tenacious.  No  special  difficulties  due  to  soil  con- 
ditions were  encountered  in  this  work..  The  omef  obstacles  to 
rapid  progress  were  at  first  the  weakness  of  the  light  excavating, 
wheel,  and  afterwards  the  extra-heavy  excavating  wheel  which 
unbalanced  the  machine.  The  tractors  were  larger  than  neces- 
sary and  often  broke  down  when  turning  on  the  hard  ground. 
At  the  time  the  following  cost  records  terminated,  the  work  had 
been  carried  on  intermittently  for  about  18  months;  about  one- 
half  this  time  was  occupied  in  repairs.  During  this  time  the 
machines  dug  117,000  ft.  of  ditch  i%  ft.  deep,  45,500  ft.  31^  ft. 
deep,  and  9,250  ft.  twice  over,  the  machine  making  two  i\^-it. 
cuts  side  by  side.  The  average  length  of  ditch  cut  per  day  was  , 
800  ft.,  while  the  maximum  was  1,950  ft.  The  daily  coat  of 
operation  was  as  follows: 

Labor $  5.E0 

Fuel     , 4.20 

Incidentals     0.50 

Repairs 2,40 

Total  per  day    $12.00 

She  average  excavation  per  day  was  410  cu.  yd.,  based  on  the 
average  of  800  ft.  of  ditch,  4%  ft.  deep,  4%  ft.  wide  at  the  top, 
and  20  in.  wide  at  the  bottom.     The  machine  excavated  82,330  cu.    ' 
yd.  in  18  months  at  the  following  itemized  cost: 

Gasoline  based  on  215  actual  days'  operation  $  903.0ff 

,   .     rRepairs,    actual  .cost    ...■. :  860,00 

Incidentals  at  50  ct.  per  day  '  120.'25    ' 

Labor  of  foreman,  18  months,  at  $75  per  month 1,S50.00 

Other  labor,  two  men,  $2.50  per  day  for  250  days 625.00 

Interest  and  depreciation   2,675.25 

'      Total  at  7.93  ct.  per  cu.  yd $6,533.50 

•( 

Low  Costs  of  Ditching  in  the  Everglades.  W.  J.  Kackley  in 
Engmeerinfj  Record,  1914,  gives  the  following:  ' 

Fig.  S'  shows  a  ditcher  which  is  now  operating  on  the  property  of 
the  Everglades  Sugar  &  Land  Company  in  Dade  County,  Florida; 
This  machine  was  built  by  the  Buckeye  Traction  Ditcher  Com- 
pany, of  Findlay,  Ohio,  but  was  completely  remodeled  by  our 
forces  to  meet  the  conditions  as  found  in  the  Everglades.  The 
machine  weighs  37  tons, and  is  equipped  with  a  45-hp.  gasoline 
engine.  The  bearing  on  the  ground  is  approximately  350  lb.  per 
sg.  ft. '         - 
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Living  quarters  are  provided  for  the  crew  on  top  of  the  ma- 
chine. This  house  will  accommodate  eight  men.  An  independent 
electric  generator  furnishes  light  for  the  living  quarters  and  for 
a  searchlight,  which  makes  it  possible  to  run  at  night.  The 
machine  cuts  a  ditch  9  ft.  wide  on  top,  21^  ft.  wide  at  the  bottom 
and  5  ft.  deep  at  an  average  rate  in  sand  and  muck  of  8  ft. 
per  min.,  or  480  cu.  yd.  per  hr.  It  has  cut  1  mile  of  ditch  in 
10  hr.,  or  528  cu.  yd.  per  hr.  Our  records -for  December,  1913, 
show  a.  total  of  43,630  cu.  yd.  of  material  excavated  at  a  cost 
of  2.9  ct.  per  cu.  yd.,  including  overhead  expense,  fixed  charges 
on  the  machine  and  cost   of  clearing  line.     Some  exceptionally 


Fig.  5.     Ditching  Machine  with  Quarters  for  Eight  Men  Used 
■  in  the  Florida  Everglades. 


hard  sand  cutting  and  heavy  clearing  were  encountered  during 
the  month. 

From  Jan.  1  to  Jan.  23  the  machine  has  excavated  58,630  cu. 
yd.  of  sand  and  muck  at  a  total  cost  of  2.4'  ct.  per  cu.  yd. 
Owing  to  the  fact  that  the  muck  soil  is  too  soft  and  spongy 
to  permit  of  transportation  by  animals,  the  machine  must  carry 
supplies  for  an  8Tmile  run,  4  miles  out  from  the  canal  and  back, 
cutting  in  both  directions  on  lines  %  mile  apart. 

The  Stockton  Ditcher.  This  machine,  Fig.  6,  is  unique  in  that 
it  can  excavate  and  widen  a  ditch  by  taking  off  successive  slices. 
This  enables  the  machine  to  be  used  for  digging  trenches  or  wide 
canals  or  for  stripping  areas.     The  limit  of  the  width  that  can 
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be  removed  depends  upon  the  length  of  the  belt  conveyor,  as  the 
spoil  bank  will  eventually  interfere  with  the  operation  of  the  ma- 
chine. The  machine  is  fitted  with  caterpillar  traction  enabling 
it  to  travel  over  very  soft  ground  or  to  span  a  ditch  6  ft.  wide. 
Fig.  6  shows  the  machine  widening  a  ditch  in  soft  peat  soil. 

The  machine   is   manufactured   by   the.  Stockton   Ditcher   Co., 
Stockton,  Calif. 


Fig.  6.     Stockton  Ditcher  Widening  a  Ditch  in  Soft  Peat  Soil. 


The  Austin  Template  Excavator.  The  distinguishing  feature 
of  this  machine  (Fig.  7)  is  that  it  is  designed  to  cut  a  ditch 
true  to  grade  having  banks  sloped  to  any  desired  angle,  with 
the  spoil  bank  at  a  sufficient  distance  from  the  ditch  to  prevent 
the  banks  from  caving. 

This  machine  constructs  a  ditch  of  practically  any  depth,  width 
of  top  or  width  of  bottom  desired,  and  slopes  the  sides  to  any 
angle  at  a  single  operation.  The  waste  banks  are  also  constructed 
at  a  distance  from  the  ditch,  a^d  it  is  possible  to  make  them 
serve  as  continuous  dikes,  in  this  way  increasing  the  capacity 
of  the  ditch  during  times  of  flood.  The  machinery  is  run  on' 
temporary  rails,-  laid  one  on  each  side  of  the  ditch.  The  ma- 
chine can  operate  either  up  grade  or  down.  The  work  can  be  done 
whether  there  is  water  in  the  ditch  or  not.     An  advantage  claimed 
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for  this  machine  is  that  being  carried  on  a  track,  it  travels  in  a 
straight  line,  making  a  perfectly  straight  ditch.  ' 

A  frame  work  upon  which  the  digging  buckets  operate  is  made 
to  conform  to  the  shape  and  size  of  the  ditch,  thus  acting  as  a 
template  for  shaping  the  ditch  as  it  is  being  excavated.  A  berm 
from  10  to  15  ft.  wide  is  left  between  the  top  of  the  slope  of 
the  ditch  and  the  spoil  bank. 

The  excavating  buckets,  two  in  number,  are  mounted  on 
wheels,  and  they  cut  in  opposite  directions,  one  always  being 
in  readiness  to  dig  while  the  other  is  dumping  its  load.  The 
guiding  frame  is  fed  down  automatically  to  any  depth  desired 
within  the  capacity  of  the  machine  and  is  under  control  of  the 
operator. 

The  guiding  frame  can  be  elevated  above  the  surface  of  the 
ground  and  the  excavator  can  thus  be  carried  across  the  coun- 
try under  its  own  steam  on  a  temporary  track.  So  rigged,  it 
can  be  moved  a  mile  a  day.  The  machine  is  made  of  steel.  It 
can  be  run  on  rails,  mounted  on  a  walking  device,  or  on  a  pon- 
toon or  boat,  but  its  best  work  is  done  when  operated  on 
rails.  It  takes. four  men  to  handle  this  excavator.  An  engine- 
man,  a  fireman  and  two  men  to  care  for  the  track. 

This  machine  is  made  by  the  F.  C.  Austin  Co.  of  Chicago. 

The  Judkin  Ditcher.  This  machine  (Fig.  8)  is  a  dry  land 
excavator  consisting  of  a  car  which  runs  on  rails,  one  being  laid 
on  each  side  of  the  trench.  A  steel  frame  extends  under  the 
machine  and  over  it.  On  this  frame  in  front  is  an  endless  chain 
carrying  a  series  of  plows.  At  the  rear  of  the  frame  are  two 
belts  running  in  opposite  directions.  The  endless  chain  runs 
transversely  to  the  direction  of  the  ditch,  being  controlled  by 
pulleys,  so  the  lower  half  of  the  frame  will  conform  to  the 
cross  section  of  the  ditch.  The  general  method  of  operating 
this  machine  is  similar  to  that  of  the  Austin,  the  ditch  being 
cut  in  sections,  the  frame  being  raised  up  to  the  surface  after 
a  section  is  excavated,  and  work  started  on  a  new  section, 

"  At  the  back  of  tlie  car,  transversely  to  the  direction  oi  the 
ditch,  is  a  triangular  shaped  cutting .  frame,  the  lower  part  of 
which  is  constructed  to  conform  to  the '  bottom  and  slopes  of  the 
proposed  ditch.  Over  each  half  of  this  frame  are  two  chain 
belts,  30  in.  apart,  and  between  these  belts  are  riveted  at  equal 
distances  14  buckets,  which  excavate  and  carry  the  material. 
The  cutting  edge  of  these  buckets  can  be  detached  from  the  main 
part  for  sharpening  if  occasion  requires.  The  buckets  over  each 
half  of  the  frame  travel  in  opposite  directions,  so  that  each  set 
passes  up  the  slope  of  the  ditch  where  it  does  the  excavation. 
Their    direction    is    changed    at   the   apex   of    the    triangle    by 
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sheaves,  each, bucket  making  a  complete  revolution  every  45  sec- 
onds, although  in  easy  digging  they  can  be  run  at  a  speed  ;of  two 
revolutions  per  minute.  The  excavating  frame  can  be  put  to-, 
gether  in  such  a  manner  that  it  will  cut  a  narrow  or  wide  bot- 
tom; or  a  different  slope.  The  excavated  material  is  cut  up 
very  fine  and  deposited  on  either  bank.  The  spoil  banks  have 
uniform  slopes  coming  to  a  sharp  edge  at  the  top. 

"Strips  30  in.  wide  are  excavated  at  a  time,  and; after  the  ma- 
chine has  made  an  advance  of  30  ft.  it  goes  back)  over  the  ditch 
to  clean  up  the   loose  material  and  the  slopes.    Then   it  goes 


Fig.  8.     The  Judkin  Ditcher. 

ahead  once  more.  .  In  the  center  of  the  ditch  there  is  left  a  small 
ridge  of  earth,  caused  by  the  excavating  buckets  crossing.  This  _ 
can  be  shoveled  out'  by  hand  or  the  water  will  wash  it  away, 
extra  earth  being  taken  from  the  bottom  to  allow  the  material 
in  the  ridge  to  bring  the  bottom  back  to  grade.  The  entire 
machine  is  under  one  man,  but  he  has  a  fireman,  an  oiler,  a  man 
and  team  for  hauling  Svater  and  4  men  and  team  for  moving 
track,  which  is  laid  in  30  ft.  sections."  The  description  of  this 
machine  is  taken  from  a  bulletin  of  the  Northeastern  Experi- 
ment Farm  of  the  University  of  Minnesota,  where  one  of  them 
used  at  Bowesmont,  N.  13.,  is  described. 
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An  average  of  two  tons  of  coal  for  a  day's  run  of  14  hr.  is 
required.  This  machine,  in  a  33  days'  run  of  14  hr.  per  day, 
made  an  average  of  1,449  yd.  per  day,  or  a  little  over  100  cu. 
J?d.  per  working  hr.  The  machine  has  a  total  weight  of  60 
tons,  will  cut  a  bottom  7  to  10  ft.  in  width  with  side  slopes  1% 
to  1. 

Ditch  Excavation  with  Templet  Excavators.  D.  L.  Yarnall,  in 
Engineering  and  Contraciiing,"Feh.  9,  1916,  gives  the  following: 

A  single-bucket  templet  excavator  was  used  in  southern  Louis- 
iana on  the  cohstruction  of  7,825  ft.  of  ditch  having  a  24-ft.  bot- 
tom width  and  ranging  in  depth  from  3.5  to  7  ft.  The  side 
slopes  were  1  to  1,  and  the  veidth  of  berm  was  15  ft.  The  total 
excavation  was  43,128  cu.  yd.  The  total  cost  of  this  machine 
on  the  work  was  $8;506.  The  soil  was  a  yellow  elay  with  a  few 
spots  of  gravelly  clay,  and  the  top  soil  was  baked  very  hard. 
No  special  difficulties  were  encountered  except  that  considerable 
cribbing  was  necessary  to  level  up  the  track  supporting  the  ex- 
cavator when  crossing  natural  water  courses.  Except  for  these 
streams  the  ground  was  level.  -  Some  trouble  was  also  experi- 
enced with  the  traction  device,  due  to  the  fact  that  the  ditch  was 
larger  than  that  for  which  the  machine  was  designed.  The  ac- 
tual number  of  working  days  was  128  days,  of  which  73  were  spent 
in  actual  digging.  The  cost  of  operation  per  day  was  as  follows: 
One  operator,  $3.85;  one  fireman,  $2.28;  three  deck  hands,  $0.27; 
one  team  and  teamster,  $5.40.  Total  per  day,  $17.80.  The  aver- 
age daily  excavation  for  the  number  of  days  worked  was  107  ft. 
of  ditch  or  337  cu.  y.l.  '  The  total  cost  of  operation  for  5  months 
was  $3,500.  Interest  and  depreciation  in  that  time,  at  41%  per 
annum,  would  amount  to  $1,452,  making  the  total  cost  $4,953  and 
the  cost  per  cubic  yard  11.5  ct. 

The  operating  cost  was  distributed  thus;  '''■''- 

Labor,    operating ■•.  $1,885.25 

Labor,    repairs    294.48 

Material,  ■  operating 496.03 

■'1.,   '.Material,,  repairs 22^.99    ; 

Fuel    ,      601.84 

Total  operating  cost  at  8:1  et.  per  cu.  yd $3,500.58 

Land  Dredges.  These  machines  may  be  divided  into  two  types : 
( 1 )  Those  moved  on  wheels  or  caterpillar  traction,  or  travelling 
on  rollers,  and ,( 2 )  walking  dredges.  The  term  includes  almost 
any  kind  of  locomotive  crane  or  travelling  derrick  operating  a 
dipper  or  bucket,  and  used  for  the  excavation  of  ditches.  The 
disadvantage  of  the  land  dredge,  as  compared  with  the  floating 
dredge,  is  that  it  is  impossible  to  use  one  in  excessively  soft 
ground.     Platform  traction  wheels,  however,  will  enable  a  dredge 
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to  travel  on  moderately  soft  ground.  The  chief  advantage  of 
the  land  dredge  is  that  with  one  of  these  machines  it  is  possible 
to  begin  d_igging  a  ditch  at  any, point.  With  a  floating  dredge, 
excavation  is  usually  begun  at  the  head  of  the  ditch  in  order 
that  there  may  be  sufficient  water  to  float  the  hull.  If  work  is 
abandoned  at  any  time  that  part  of  the  ditch  already  dug  is  in 
most  cases  useless.  In  fact,  it  may  be  a  detriment,  for  an  rni- 
usuar  flood  would  carry  a  large  volume  of.  water  to  the  point 
where  the  ditch  ended  and  possible  cause  considerable  destruction 
to  property.     The  land  dredge  can  start  work  at  the  outlet  pf  a 


Fig.  9.     Gopher  Traction  Ditcher. 


ditch,  and,  as  far  as  dug,  the  ditch  becomes  a  useful  work,  drain- 
ing the  land  through .  which  it  flows. 

The  Gopher  or  Straddle  Ditcher.  This  machine  (Fig.  9)  is 
biylt  by  Mayer  Brothers,  Inc.,  Mankato,  Minn.  Th,e  machine  is 
mounted  on  two  steel  beams  that  straddle  the  ditch  the  machine 
digs.  The  four  outer  ends  of  these  beams  are  each  provided 
with  a  two-wheeled  oscillating  truck.  The  wheels  are  2  ft. 
high  and  18  in.  wide.  They  run  on, plank  track  6  in.  thick,  3  ft. 
wide  in  six  sections,  each  20  ft.  long.  One  section  on  each  side 
is ,  always  loose  and  the  sections  are  moved  forward  by  two 
special  cranes  with  which  the  machine  is  provided  for  this  and 
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other  purposes.  The  planks  are  wide  enough  to  hold  the  ma- 
chine up  on  the  softest  ground  arid'  slough.  The  dredge  will  dig 
12  ft.  deep  and  22  ft.  wide  on  firm  ground.  It  will  deposit  the 
dirt  32  ft.  out  from  the  center  of  the  ditch  to  the  center  of 
the  bank  to  either  side,  making  it  64  ft.  from  center  to  center  of 
said  bank.     The  dipper  will  swing  free  over  a  bank  14  ft.  high. 

The  machine  is  pulled  ahead  with  a  cable  from  the  engine 
hooked  to  the  track  from  both  sides,  and  run  to  a  dead  man 
ahead  of  the  dredge.  The  moving  is  done 'without  interfering 
with,  or  stopping  the  work  of  digging.  The  total  weight  of  the 
dredge  is  about  25  tons,  and  it  is  equipped  with  a  dipper  hav- 
ing a  capacity  of  one  cu.  yd.  It  is  stated  that  tlie  dredge 
will  excavate  from  500  to  800  cu.  yd.  of  earth  in  10  hr.  This 
machine  is  meant  to  operate  either  in  dry  material  or  where 
there  is  water  in  the  ditch. 

The  King  Ditcher.  Another  type  of  dipper  machine  is  known 
as  the  King  Ditcher,  manufactured  by  the  Marion  Steam  Shovel 
Co.,  of  Marion,  Ohio.  This  machine  is  for  dry  land  excavating. 
However,  wate'r  will  do  no  harm  unless  it  is  high  enough  to  in- 
terfere  with   the   working   of   the   machinery. 

The  boiler,  engines  and  boom  are  all  mounted  on  a  large  drag 
or  mud  boat.  As  the  hull  is  comparatively  narrow,  easily  ad- 
justible  jackarms  are  placed  on  each  side  of  the  machine  to 
prevent  it  from  tipping.  It  is  provided  with  a  pair  of  inde- 
pendent cable  drums  with  cables  attached  to  anchors  placed  in 
the  ground  on  each  side  of  the  ditch.  By  this  means  it  is  pro- 
pelled along  the  ditch  as  fast  as  the  material  is  thrown  out. 
It  can  be  used  on  any  kind  of  work,  from  soft  material  to  the 
hardest  clay  or  hardpan,  and  material  may  be  dumped  into  cars 
or  carts,  or  deposited  on  the  banks  as  required.  The  mdterial  is 
dug  with  a  regular -steam  shovel  or  dredge  dipper.    :      , 

This  ditcher  is  adapted  for  excavating  lateral  ditches,  where 
there  is  not  suflicient  water  to  float  a  dredge,  or  narrow  trenches 
or  ditches  where  little  or  no  slopes  are  needed.  For  ,  large 
ditches,  especially,  with  water  in  them  the  Marion  Steam  .Shovel 
Co.  makes  floating  dredges  of  various  sizes  and  capacities.,  They 
also  mount  some  of  these  dredges  with  dipper  ,  capacities  from 
114  to  2%  cu.  yd.  and  with  booms  from  35  to  ,70  ft, .  long,  on 
wheels.  These  are  known  as  Traction  Dredges.  Under  ,«aph 
corner  of  the  dredge  is  placed  a  small '  four-wheeled, ,  car  or 
truck,,  and  these  cars  rim  on  two  rails  or  a  track  laid  ,dp,\yn 
for  that  purpose.  By  means  of  cables  the  dredge  is  propelled. 
The  platform  or  hull  is  of  s.uch  width  as  to  make  the  use  of 
bank  spuds  or  jack  screws  unnecessary. 

The  Fairbanks  Walking  Dredge.    Engineering  News,  Apr.  26, 
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1911,  describes  a  ditching  machine  (Fig.  10)  that  is  made  by 
the  Fairbanks  Steam  Shovel  Co.,  of  Marion,;  0.,  »nd  is,  known  as 
a  "walking  dredge."  This  machine  is  designed  to  excavate 
-  ditches  where  it  is  impossible  to  get  enough  water  to  float  an 
ordinary  boat.  It  does  not  require  any  track,  or  "rollers  to  move 
it  ahead.  The  machinery  is  placed  on  a  timber  hull  or  platform 
well  braced,  to  go  over  the  constructed  ditch  and  the  boom  is 
operated  like  that  of  an  ordinary  dredge  by  a  turntable.  The 
shovel,  which  is  the  digging  part  of  the  machine,  is  shaped  very 
much  like  a  slip  or  drag  scraper.     It  has  a  capacity  of  from 


Fig.    10.    View  of   Walking  Dredge  for   Dry   Ditching. 

one  to  two  yards.  It  is  attached  to  a  long  arm,  which  is  let 
down  to  the  ground  and  the  shovel  is  filled  by  means  of  a  drag 
line  from  the  engine.  The  shovel  has  two  tails  and  two  lines  on 
it.  The  second  tail  keeps  the  shovel  in  an  upright  position  as 
it  is  being  loaded,  and  by  releasing  the  line  the  load  is  dumped. 
A  somewhat  similar  machine  to  this  and  also  called  a'  walking 
dredge;  has  been  used  in  Minnesota  on  ditch  work.  This  ma- 
chine has  a  second  boom,  known  as  the  walking  beam,  suspended 
from  the  boom.  Pivoted  on  the  end  of  the  walking  beam  is  the 
shovel  arm,  and  the  shovel  of  scraper  instead  of  working  to-, 
ward  the  machine  as  in  the  Fairbanks'  dredge,'  when  loading 
works  away  from  it.     This  is  accomplished  by  pulling  with  a 
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chain  on  the  iipper  end  of  the  shovel  arm.  The  load  is!  released 
by  a  pull  on  a  chain  attached  to  the  bottom  of  the  shovel  arm. 
"The  peculiarity  of  this  machine  is  the  method  of  moving. 
Under  each  corner  is  a  timber  platform  the  shape  of  a  stone 
boat,  called  a  foot  ( Fig.  11).  Each  of  these  corner  feet  is  6 
ft.  wide,  8  ft.  long  and  4  in.  thick.  They  are  joined  together 
transversely    by    a    light   timber.     This   requires    them   both   to 
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Fig.  11.     Corner  Foot  of  Walking  Dredge. 

move  in  the  same  direction,  the  direction  being  controlled  by  a 
chain  which  runs  from  each  corner  foot  to  a  drum  that  is  op- 
erated by  the  craneman.  Near  the  outside  of  : each  corner, foot 
there  is  a  knife  made  of  iron, ,  pne-half  ipch  thiqk  by  6  in. 
wide  and  6  ft.  long,  which  prevents  the  foot  slipping  sidewise. 
Midway  of  the  machine  on, either^ side  is  a  center  foot  6,  ft.  wide, 
14  ft.  long,  fl  in.  thick.     On  the  under  side  a  6x6  in,  timber 
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isi  bolted  crosswise,  to  prevent  slipping  back.  This  foot  is,  at- 
tached to  a  heavy  triangle  frame,  free  to ,  move  longitudinally 
betvreen  the  double  side  frame  of  the  hull.  A  chain,  t^e  end  of 
which  is  attached  to  the  side  timbers  of  the  hull,  passes  over 
two  pulleys  in  this  triangular  frame  and  then  passes  along  the 
hull  to  the  back  corner  and  across  the  back  end  to  a  drum  jifhich 
is  located  about  the  center  of  the  hull.  When  it  is  desired  to 
move  the  machine  the  powfer  is  turned  on  to  this  d,rum  and  the. 
chain  wound  up.'  As  the  chain  tightens,  the  hull  of  the"  ma- 
chine rises,  the  weight  coming  on  the  center  foot.  The  winding 
on  the  drum  is  continued  until  the  weight  in  lifting  the  hull 
becomes  greater  than  the  friction  at  the  corner  feet,  when  the 
entire  hull  moves  ahead  about  6  ft.,  although  ^n  8-ft.  move 
can  be  made;  The  chain  is  then  released,  taking  the  weight  off 
the  center  foot,  which  is  pulled  by  another  chain  attached 
to  a  dwim  in  the  front  part  of  the  hull. 

"  This  machine,  when  not  digging,  has  moved  across  country 
at  the  rate  of  pne  mile  in  11  hr,  While  working,  the  machine 
threw  7  shovels  of  dirt  and  moved  ahead  6~ft.  8  in.  in  7  min. 
It  worked  at  this  rate  several  times  and  this  seemed  to  be 
about  an  average  speed.  Short  bends  cannot  be  made,  as  the 
feet  are  liable  to  slip  into  the  ditch  and-  wet  caving  material 
causes  trouble.  When  the  banks  are  dry  and  firm  there  is  no 
difficulty  in  moving." 

The  Monighan  Walking  Excavator.  An  excavator  which  is 
mounted  upon  a  tractor  device  having  a  "  walking "  motion 
instead  of  being  mounted  upon  rollers  or  wheels,  has  been  brought 
out  recently  and  ig  used  especially  in  land  drainage  work.  The 
advantages  claimed  for  this  method  of  moving  the  machine  are 
in  giving  a  much  larger  bearing  area  than  rollers,  wheels,  or 
caterpillars;  and  in  giving  only  a  direct  pressure  upon  the 
groimd,  thus  avoiding  the  tearing  up  and  churning  of  soft  soil 
by  wheelji  or  caterpillars.  It  requires  no  tracks'  for  wheels  and 
no  skids  or  plankways  for  rollers,  and  thus  dispenses  with 
men  required  to  handle  such  auxiliary  parts.  The  machine  can 
travel  in  any  direction  and  can  change  its  direction  readily, 
turning  angles  or  curves  without  ahy  skidding. '  The  mechanism 
for  moving  comprises  few  parts,  which  are  large  and  substantial 
and  not  liable  to  wear.  - 

The  excavator  is  of  the  drag-line  type  and  is  shown  at  work 
in  Fig.  12,  while  Fig.  13  shows  the  details  of  the  tractor  or 
traveling  device.  The  steel  frame  carrying  the  machinery  and 
boom  J'evolves  upon  a  turntable  or  circular  base  which  rests  on 
the  ground  and  forms  the  support  of  the  machine  when  work- 
ing:    The  bottdm  of  this  base  frame  is  covered  with  steel  plates, 
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so  that' it  provides  a  lajge  bearing  area.  Across:  the  upper  or  re- 
volving frame  extends  a  Q-m.  shaft  carrying  at  each  end  a 
cast-steel  sector  A,  to  which  is  pivoted-  a  lifting  beam  £. 
J'rom  this  beam  is  suspended  the  shoe  or  platform  C,.  whiqh  has 
a  steel  frame  shod  with  plank.  Upon  the  shaft  is  a  large  spur 
wheel  D,  gearing,  with  a  pinion  which  is  mounted  on  the  shaft 
of  the  loading  drum  and  is  fitted  with  a  jaw  clutch  and  a  band 
ihrake. 

,_  When  the  machine  is  excavating,  there  is  no  load'  upon  the 
shoes,  which  are-  swung  clear  of  the  ground,  the  entire,  weight 
being  carried  by  the -base  of  the.  turntable.  When  the  machine 
is  to  be  moved',  the  pinion  eluteh  is  thrown  in  and  the  engine 


Fig.  12.  Monighan  Walking  Excavator.  When  working,  the 
weight'  IS  ca,rried.by  the  solid-base  turntable  frame  A.  -When 
moving,  the  weight  is  carried'  by  the  two  shoes  B  B. 

started,  thus  driving  the  cross-shaft.  As  this  revolves,  the  sec- 
tors and  beams  lift  the  side  shoes  and  swing  them  8  ft.iorward, 
till  they  rest  upon  the  ground.  The  continued  revolution  of 
the  shaft  causes  the  sectors  to  ride  or  jock  upon  steel  plates 
on  top  of  the  shoes,  the  entire  weight  of- the  machine; ibeing  thus 
transmitted  to  these  shoes  :while  the  machine  is  lifted  bodily  i,and 
shifted  8  ft.  forward.  The  total ,  advance  is  thus  16  ft.  When 
the. movement  is  completed,. the. sectons  lift  the  shoes  clear  of, (the 
•ground)  and  the  machine  is  again-  carried  upon  the  broad ,  base 
of  the  turntable.  The  clutch  is;  then  released,  and  the  machine 
resumes  work."  i      •■■'■ 

As  the  shoes  are  carried  by  the  revolving  frame,  there  is  no 
skidding  in  turning  the  machine   at  an   angle  or  curve.     With 
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the,  shoes  raised  clear  of  the  ground,  the  machine  is  revolved 
into*  the  desired  line  of  direction,  the  shoes  being  then  lowered 
stnd  the  machine  advanced  in  this  line.  Thus  it  is  readily  mov- 
able in  any  directibn,  and  wide  ditch  work  can  be  handled  with 
a  comparatively  short  boom,  the  machine  working  alternately  on 
opposite  sides  of  the  ceiiter  line  of  the  cut.  The  shorter  boom 
permits  of  a  larger  bucket  and  greater  excavating  capacity.  As 
the/'shoes  are  raised  about  2  ft.  from  the  ground,  it  is  easy  to 
place  timbers  or  earth  filling  beneath  them  if  required  ■  in  very 
soft  ground. 


"^^ 
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Fig.  13.    Walking  Mechanism  of  Monighan  Walking  Excavator. 


The  machine  shown  in  Fig.  12  is  at  work  on  a  drainage  ditch 
3%  mi.  long,  near  Wheeling,  111.,  the  contract  involving  about 
100,000  cu.  yd.  of  excavation.  The  ditch  is  10  ft.  wide  on  the 
bottom;  Vfith  side  slopes  of  1:1  and  a  depth  of  5  to  10  ft.  There 
is  a  .15-ft.  berm  and  a  spoil  bank  on  each  side  for  the  greater 
part  of  the  distance,  but  in  some  places  these  are  on  one  side 
only.  The  machine  has  a  50-ft.  boom  and  handles  a  2%-yd. 
scraper  Bucket.  Its  turntable  track  is  17  ft.  diameter.  The  two 
shoes  or  side  platforms  are  20x4  ft.,  each  colnposed  of  two 
12-in.  I-beams  with  %-in.  cover-plates  on  top  and  3-in.  oak 
planks  bolted  to  the  bottom  flanges. 

The  boiler  is  of  the  locomotive  type,  carrying  125  lb.  pressure 
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and  there  is  a  750-ga}.  water  tank.  The  weight  of  the  machine 
is  about  65  tons.  A^  larger  size  is  made,  having  a  24-ft.  turn- 
table, 65-ft.  boom  and  Si^-yd.  bucket;  this  weighs  about  85  tons. 
The  machines  may  be  operated  by  gasoline  engines  or  electric  mo- 
tors if  required. 

These  "  walking "  drag-line  excavators  are  built  by  the  Moni- 
ghan  Machine  Co.,  of  Chicago.  The  walking  mechanism  is  the 
invention  of  0.  J.  Martinson. 

Ditching  with  Special  Plows.  The  simplest  ditch  can  be  dug 
with  an  ordinary  plow.  For  this  purpose  a  turning  plow  is  used. 
A  furrow  is  turned  from  6  to  10  in.  deep,  and  the  plow  in  re- 
turning throws  the  earth  in  the  opposite  direction,  giving  a  ditch 
on  the  bottom  from  6  to  12  in.  in  width.  The  earth  is  thrown 
to  each  side  of  the  furrow. 

A  better  ditch  can  be  excavated  for  either  drainage  or  irriga- 
tion work  by  first  plowing  four  furrows  with  an  ordinary  plo* 
and  then  by  using  a  shovel  plow,  which  has  a  square  bottom" mold 
board,  flat  like  a  shovel  with  a  14  or  16-in.'  blade,  the  plowed 
earth  is  pushed  to  each  side,  leaving  a  ditch  from  one  to  two 
feet  wide  and  from  8  to  12  in.  deep. 

A  wing  plow,  which  has  a  long  mold  board,  can  also  be  used 
to  excavate  a  ditch.  More  efficient  work  can  be  done  by  first 
plowing  the  ground  as  is  done  for  the  shovel  plow. 

A  lateral  plow,  which  is  the  name  given  to  a  plow  used  in  irri- 
gation countries,  is  made  by  bolting  together  the  beams  of  a 
right  hand  and  a  left  hand  plow.  The  shears  are  spread  out, 
and  rounded  instead  of  being  pointed.  On  top  of  the  mold  boards 
are  riveted  two  other  mold  boards  taken  from  other  plows. 
Wide  handle  bars  are  bolted  to  the  plow  and  well  braced  to  the 
beams.  Such  a  plow  is  drawn  by  from  4  to  8  horses,  according 
to  the  character  of  the  soil  and  the  depth  of  the  ditch  to  be 
made.  One  operation  of  this  plow  turns  two  furrows,  one  to 
each  side  of  the  ditch,  throwing  the  dirt  high  on  the  ground. 
A  ditch  with  a  clean  bottom  about  2  ft.  wide  is  left.  A  tool 
of  this  kind  should  have  extensive  use  in  many  sections  of  the 
country.  -  The  excavated  earth  could  be  afterwards  "leveled  off 
with  a  two-horse  grader  or  leveler. 

Ground  can  also  be  broken  with  a  plow  and  then  pushed  to 
either  side  with  an  A-shaped  drag,  such  as  is  used  to  clean 
paths  through  snow,  made  either  of  steel  or  timber.  The  bot- 
tom of  the  timber  should  be  shod  with  iron. 

Ditching  with  Cable  Operated  Plows.  Engineetimg  yews,  Febi. 
3,  1916,  gives  the  following:  '    • 

For  excavating  the  smaller  sizes  of  farm  ditches,  tqo  small 
for  th«  use  of  a,  floating  djredge  or  a  land  dredge,  a  ditching  plow 
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was  invented  about  40  years  ago  in  western  Indiana.  It' -has  a 
double 'inoldboard  and  cuts'a  ditct  about  4'  ft.  wide  oh  top  and 
2  ft.  deep,  with  a  bottoni  width  of  less  than  1  ft.  To  draw  this 
plow,  80  oxen  were  used;  making  tlie  ditch  at  one  Cut.  This  type 
of  ditching  machine  finally  developed  into  a  standard  outfit,  con- 


Fig.  14.  Plow  for  Ditching  by  'Horse  Traction.  The  plow; 
shown  in  raised  position,  is  fitted  with  a  side  wing  to  form  a 
berm  along  top  of  ditch. 

sisting  of  one  plow  and  two  capstans,' using  several  thousand 
feet  of  steel  cable  with  each  rig. 

'    Work   of    Horse    Capstan   Plows.     With   this    outfit   thp   plow 
will  cut  a  ditch  8  ft!  wide  on  top,   18  in.' on  the  bottom  and 


Fig.  15.  Capstan  for  Ditching  by  Horse  Traction.  The  long 
horizontal  pole  is  the  sweep  by  which  the  horsed  turn  the  drum 
and  the  inclined  timbers    (one  on  each  side)    are  anchors. 


about  3  ft.  deep.  It  is  drawn  by  two  %-in.  steel  cables,  one  from 
each  capstan,  both  being  operated  at  the  same  time.  It  makes 
a  ditch  with  one  cut,  either  dry  or  under  water,  and  places  on 
both  sides  of  the  ditch  the  earth  excavated,  pushing  the  earth 
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back  so  as  to  leave  a  clean  berm  of  3  ft.  The  two  capstans  used 
to  draw  the  plow  are  self-anchoring  and  have  14in.  vertical 
drums,  each  drum  holding  1,000  ft.  of  cable. 

•!Pour  heavy  horses  are  used'  oh  each  capstan,  working  abreast 
and  pulling  at  the  end  of  a  sweep  that  is  attached  direct  to  the 
drum.  This  sweep  is  usually' abtfut  24  ft.  long,  arid  the  horsfes 
describe  a  circle  niearly  50  ft.  in  diameter  in  order  to  wind  in 
3' or  4  ft.  of  cabled'  The  work  is  so  severe  that  relays  of  horses' 
are  used,  and  there  are  usually  about  20  horses  with  each  ditch- 
ing rig. 

<  These  horse-driven  ditching  plows  cut  about  100  rods,  or  1,650 
ft.  of  ditch  per  day.     In  Wisconsin  they  frequently  cva  50  mile* 


Pig.  16.     Caterpillar  Tractor  with  Drum  for  Hauling  the  Ditch 
ing  plow      When  plowing,  the  tractor  is  stationary  and  is  an  ' 
diore'd  by  the  inclined  spuds  while  the  60-hp.  engine  drives  the 
drum  for  winding  in  the  plow  pable. 

of  ditch  in  one  season  at  a  contract  price  of  from  $1.25  to  $2 
per  rod  of  ditch,  depending  upon  the  character  of  the  soil.'' 
Ditches   made    in    stony    or    timbered    lands,  a,re    tlhe  '  more   eX- 

^^Poiler  Operated  Capstan  Plows.  A  gasoline  tractor  supported' 
,by  two  long  caterpillar  wheels  30  in.  wide  carries  a  cable  drum 
(Fig  16).  Two  anchor  flukes,  2x10  ft.  are  placed  near  thfr 
front  of  th*  machine^  one  on  each  side.  They  are  held  at  the 
proper  angle  by  heavy  qhains  attached  to  the  ^  frame  of  the 
tractor  These  anchors  hold  the  power  capstan  stationary  when 
the  plow  is  being  pulled  forward  to  cut  the  ditch; 
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The  1%-in.  steel  pulling  cable  is  wound  upon  a  large  built-up 
cast-steel  drum  attached  to  the  rear  of  the  machine.  This 
drum  i^  24  in.  long,  16  in.  in  diameter,  with  flanges  36  in.  in 
diameter.  It  is  driven  by  two  heavy  link-belt  chains  from  the 
main  driving  shaft  of  the  tractor  and  is  so  back-geared  that 
when  the  60-hp.  motor  is  running  at  its  normal  speed  the 
drum  winds  in  the  pulling  cable  at  a  rate  of  14  to  18  ft.  per 
min.,  depending  upon  the  amount  of  cable  on  the  drum.  The 
drum  holds  about  1,000  ft.  of  cable.  When  greater  length  is  re- 
quired, on  account  of  inaccessible  grounds,  etc.,  removable  sec- 
tions of  500  or  600  ft.  of  cable  are  used  to  attain  the  desired 
length.  J 

It  has  been  found  that  the  pulling  power  is  so  much  greater 
than  that  of  the  horse  machines  that  the  size  of  the  plow  can  be 
increased.  The  new  plows  will  cut  ditches  2  ft. -wide  on  the  bot- 
tom and  3^  ft.  deep.  They  are  made  by  the  Glencoe  Foundry 
and  Machine  Co.,  of  Glencoe,  Minn. 

Operating  the  Power  Ditching  Plow.  The  power  capstan  re- 
tains its  original  feature  as  a  tractor  and  is  used  to  haul  the 
plow  which  weighs  4  tons  when  mounted  on  its  removable  trucks. 
It  also  hauls  a  wagon  loaded  with  cable  arid  supplies,  and  a 
Iboarding  cabin  mounted  on  wheels.  It  takes  this  outfit  over 
ordinary  jcountry  roads  at  the  rate  of  about  2  mi.  per  hr.  The 
machine  weighs  about  15  tons;  but  owing  to  its  large  bearing 
surface,  it  can  travel  under  it's  own  power  over  swamp  lands  too 
soft  to  support  a  team.  It  is  driven  by  a  four-cylinder  four- 
cycle'  gasoline  engine  of  60  hp.,  which  also  furnishes  power  to 
drive  the  winding  drum. 

In  operation  the  plow  is  left  at  the  starting  point  of  the 
ditch,  the  cable  being  attached  to  the  beam  of  the  plow.  Then 
tlie  power  capstan  moves  ahead  to  some  point  on  the  line  of 
the  ditch  to  be  cut,  paying  out  the  cable  as  it  advances.  When 
this  point  is  reached,  the  traction  gear  is  released  and  the  wind- 
ing apparatus  to  the  drum  is  thrown  into  gear.  The  anchors 
are  released,  allowing  the  points  to  drop  to  the  ground.  As  the 
cable  to  the  plow  becomes  taut,  it  draws  the  machine  backward, 
causing  the  anchor  flukes  to  enter  the  ground  until  the  tractor 
with  its  capstan  becomes  firmly  anchored. 

When 'all  tjie  cable  is  wound  on  the  drum,  or  a  change  in  the 
direction  of  the  ditch  is  to  be  made,  the  winding  gear  is  thrown 
oiil  of  actipp  and  the  traction  gear  is  thrown  in.  As  the  tractor 
then  advances,  it  pays  out  the  cable  and  withdraws  the  anchors, 
which  are  hooked  up  clear  of  the  ground  by  power,  and  the  ma- 
chine proceeds  to  a  new  point  of  setting,  as  determined  by  the 
foreman. 


DITCHES  AND  CANALS 


931 


The  power  capstan  is  operated  by  one  man  and  a  helper;  one 
man  rides  on  the  plow,  and  a  team  with  driver  is  used  in  hauling 
supplies  to  the  calnp  and  to  the  machine.  A  cook  in  the  port- 
able cabin  on  wheels  furnishes  the  fbod  for  the  crew.  A  fore- 
man directs  the  movements  of  the  whole  outfit. 

Ditching  'with  Cable  Plow  Operated  from  Barges.  In  ditch- 
ing land  that  is  too  soft  to  permit  the  operation  of  a  caterpillar 
traction  ditcher,  or  other  traveling  plants,  either  hand  work,  or 
the  use  of  some  sort  of  ditch  plow  operated  from  barges  is  the 
only    alternative.     According    to    A.    M.    Shaw,    in   Engineering 


■Anchorage  for 

SwrkhBtock 

Fig.  17.    Method  of  Excavating  Ditches  by  a  Cable 
Operated  Plow.  ■    - 


Vews,  Aug.  14,  1913,  ditches  in  soft  ground  were  excavated  with 
an  outfit  consisting  of  the  following:  (1)  two  barges,  16  by  20 
ft.;  (2)  a  special  compound-geared -pulling  engine,  made  by 
Clyde  Iron  Wks.;  (3)  two  lengths  of  %-in.  steel  cables,  each 
1,350  ft.  long;  (4)  one  length  of  light  message  cable;  (5)  one 
ditching  plow.  The  engine  has  7  by  10-in.  cylinders  and  a  ver- 
tical boiler  (4  by  9  ft.)  carrying  100  lb.  pressure.  The  total 
weight  of  boiler  and  engine  is  about  9  tons. 

The  power  plow  consisted  of  a  heavy  log  forming  the  main 
stem  or  keel,  with  a  long  steel  "coulter"  hinged  to  the  under 
side.  This  "coulter"  was  made  from  a  steel  bar  about  %.  in. 
thick,  4  in.  wide  and  4  ft.  long.  The  pulling  cable  was  attached 
to  the  top,  and  another  cable  was  also  attached  to  the  top  of 
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the  "  coulter  "  and  carried  back  by  an  adjustable  hitch  o^i  the 
top  of  the  center  log.  This  latter  cable  was  used  for  regulating 
the  depth  of  cuts.  From-  the  front  end  of  the  log  extended  two 
heavy  plank  wings  or  mold  board. 

The  method  of  working  was  to  excavate  two  main  canals  about 
1,200  ft.  apart,  and.  to  open  the.  land  between  them  by  a  aeries 
of  connecting  ditches  (Fig.  17).  On.  one  canal  a  ditching  plow 
was  floated  While  on  the  other  canal  was  a  barge  i  carrying  the' 
pulling  engine.  A  Steel  cable  ran  from  the  plow  to  the  forward 
drum  of  the  engine,  capable  of  exerting  a  20,000-lb.  pull.  This 
cable  pulled  the  ditching  plow  through  the  intervening  1,200 
ft.  of  ground  at  aT  speed  of  about  3^0  ft.-  per  Jir?  Another 
cable  ran  from,  the  rear-  drum,  of  the  enguie  to  a  snatch  block 
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Fig.  18.     Plan  of  a  Canal  and  Ditch  System  for  Drainage  of  a 
Tract  of  Swamji  Land  in  Louisiana. 


on  the  farther  bank  of  the  lower  canal,  and  thence  to  the  -rear 
of  the  plow.  This  latter  drum  (single-gear)  exerted  a  pull  of 
8,000  lb.  to  haul  the  plow  back  through  the  newly  dug.  ditch.to 
the  c'anal,  whence  it ,  was  floated  down  to  the  next  proposed,  ditch 
and  the  operation  was  repeated.  .    \  •:      • 

It  was  not  found  practicable  to  cut,  a  ditch-  more  than  abojit 
30  in.  deep  with  _  this  device,  and  it.  lacked  the  adjustable .  fea- 
tures of  a  more  elaborate  ditching  machine.  It  had  the  follow- 
ing advantages :-( 1 )  low  first  cost;  (2)  economy  of  operations; 
(3)  simplicity;  (4)  easily,  transferred,  as  the  plow  is  pulled 
into  the  cansll.  and  floated  from  one  diteh  to  the  next. 

One  month,  156  quarter-mile  ditches  (or  39,  miles)  were  cut 
with  the  plow,  each  ditch  being  gone  over  twice.  The  ditches 
averaged  about  30  in.  deep,  2  ft,  wide  at  the  bottom  and  3  ft. 
wide,  on  topi     The  cost  of  operating  the  plow,  including  repairs, 
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fiiel,  etc.,  amounted  to  about  5  ot.  per  cu.  yd.     A  crew  of -lO'to 
12  men  was  required. 

Ditching  by  Explosives.  Explosives  if  properly  used  wijl  ex- 
cavate ditches  and  spread  the  material  removed.  The  flow  of 
water  is  depended  on  to  clean  out  the  bottom.  Holes  in  stiff 
clay  or  hard  pan  should  be  26  in.  apart  along  the  ditch,  and 
in  loose  mucky  soil  30  in.'  apart.  They  should  be  punched  or 
bored  to  within  8' in.  of  the  desired  depth.  In  strongly  sodded 
soil,  cut  with  a  spade  along  the  side  lines.ii  All  holes  in  the 
ditch  should  be  blasted  simultaneously  with  a  battery  if  pos- 
sible, or  placed  closer  together,  18  to  24  in.  apart  along  the 
ditch,  and  exploded  by  concussion  from  the  middle  hole,  that  one 
being  detonated  by.  a  fuse  and  cap.  Tables  I  a,nd  11  give  the  re- 
quired charges.  Dynamite  of  20%  grade  is  ordinarily  used,  but 
in  stiff  tenacious  soil.  40%  is  better.  When  the  material  is  soft 
at  top  and  hard  at  bottom,  use  40%  dynamite  in  the  bottom  of 
Jhe  charge  and  20%  in  the  top. 

TABLE  I  —  OP  CHARGES  FOE  DITCH  BLASTING  (USINS  BATTERY) 


Top  width                   Number  of  cartridges 
of  ditch               required  for  various  depths 
in  ft.         2^4  to  3  ft.             4  ft.            5  to  6  ft. 

Niimbel"  of 
rows  of  holes 
required. 

Distance 
between 
rows,  in. 

3                     % 
.6                   1 

'    '■■      -8  ■     •■         '1 
.10                   1 

.,.-^      -A    . 

16                    1 
Required  length  of 
No.  6  Victor  Elec- 
tric Fuses. '. . ."«  4-ft. 

2 
2 
2 
2 
2 
2 

6  ft. 

1 
3         •            1 
3                     2 
3                      2 
3                      2 
3                      2 
3                     3 

6  to  8  ft. 

20 

28 
36 
42 
42 

Distance  apart  in  rows 

depends  on  nature  of  soil. 

TABLE   II  — OF   CHARGES  FOR  BLASTING  DITCH   0 
BATTERY) 

WiTHOV] 

ApBroximate  number  of  cartridges 
per  hole  required  for  various  '' 
Top  width                          depths 
of  ditch     2%  to  ,3  ft.      4  ft.          5  ft.          6  ft. 

Number 
of  rows 
required 

Distance! 
between 
rows,  in. 

e"     ■    'i     ■ 

8                 1 
-^  10    .           ,1 
12                 U 
14                 1 
t.     16                ,1 
18                 1 
20                 1 

2 
2 
2 
2 
2 
2 
2 
2 

2% 
2^ 
2V^ 
2% 

m 

•2^ 
2% 

3 

3    ' 

3 

3 

3 

3 

3 

3 

1 
2 
2 
'"   2' 
2 
3 
3 
S 

,30    , 

.36 

42 

48 

36 

42' 

48. 

Distance  apart  in  rows  depends  on  nature  of  soil. 

For  methods  of  blasting  see  Chapter  V.    Also  see  my  "liand- 
book  of  Eflck  Exca-vation."  i  ,- 
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Three  Examples  of  Cost  of  Ditching  by  Pynaiuite.  The  fol- 
lowing work  done  at  Chadbourne,  N.  C,  for  the  Brett  Engineering 
Co.,  as  reported  in  Engineering  and  Contracting,  May  8,  1912. 

Where  the  ground  was  comparatively  free  from  stumps  and 
roots  holes  were  put  down  18  in.  apart,  3%  ft.  deep,  and  100  holes 
in  all.  Each  hole  was  pointed  45°  and  loaded  with  one  stick  of 
Hercules  60%  N.  G.  dynamite  l%x8  in.,  the  center  hole  being 
primed  with  an  extra  stick  and  a  double  strength  exploder.  See 
Fig.  19.  The  result  was  a  good  ditch  7  ft.  i  wide  on  top,  3i  ft. 
on  the  bottom  and  3  ft.  deep  and  150  ft.  long.  Costs  of  finishing 
and  trimming  according  to  specifications  per  running  foot  were: 

Explosives $11.35 

Putting'  down  holes   .' ; '. -.50 

Finishing  and  trimming 4.50 

Total  cost  Of  150-ft.  ditch $16.35 

Total  cost  per  running  ft 0.109 

The  next  ditch  was  shot  at  Sollo  Swamp,  where  the  ground 
was  heavily  matted  with  roots  and  stumps.  The  specifications 
here  called  for  a  ditch  14  ft.  wide,  2%  ft.  deep.  A  double  row  of- 
holes  were  used,  100  in  each  row,  18  in.-  apart  laterally,  4^  ft. 
apart  longitudinally,  and  4  ft.  deep.  Both  rows  pointed  45°  in 
the  same  direction.  The  middle  holes  were  primed  with  an  extra 
stick  and  a  double  strength  exploder.  Along  the  path  of  this 
ditch  there  were  35  stumps  from  6  in  to  p  ft.  in  diameter.  The 
result  was  a  cl^an  ditch  12  to  14  ft.  wide,  A  ft.  deep  and  150  ft. 
long. 

Explosives  per  running  ft $0,100 

Holes  per  running  ft 007 

Labor  per  running  ft ' .030 

Total  cost  per  running  ft. $0,137 

The  next  ditch  was  shot  at  Dunn  Swamp,  150  ft.  long  in  the 
muddiest  and  stickiest  kind  of  ground.  A  double  row  of  holes 
was  used,  18  in.  apart,  4^  ft.  laterally,  4  ft.  deep,  both  rows 
pointed  45°  in  the  same  direction.  Each  hole  was  loaded  with 
one  stick  of  60%  dynamite  and  the  middle  hole  of  each  row  was 
primed  with  a  double  strength  exploder.  All  the  holes  were 
well  tamped.  The  result  was  ^  very  clean  ditch  "14  ft.  wide,  3% 
to  4  ft.  deep  and  150  ft.  long.  The  total  cost  of  this  ditch  was 
the  same  as  the  ditch  shot  at  Sollo  Swamp. 

A  drainage  ditch  2,600  ft.  long,  containing  1,732  cu.  yd.,  was 
blasted  out  with  1,400  lb.,  of  60%  nitroglycerin  dynamite..  The 
method  used  was  to  prime  the  center  holes  iii  a  line  300  to  500 
ft.  long  with  fuse  and  caps.     According  to  B.  L.  Jenks  in  the 
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DuPont  Magazine  for  June,  1914,  the  land  was  very  wet  and  it 
would  have  been  impossible  to  use  teams  or  a  ditching  machine. 
To  have  dug  it  by  hand  would  probably  have  cost  at  least  33 
ct.  per  cu.  yd.  The  total  cost  by  the  dynamite  method  was  $383 
or  22.1  ct.  per  cu.  yd.,  itemized  as  follows:     Dynamite  delivered 


^ 
^ 


.\ 


9 


Fig.  19.    Arrangement  of  Holes  for  Excavating  Ditches  with 
Dynamite. 


on  land,  $278;  labor  putting  down  the  holes  and  shooting,  $104; 
fuse  and  caps,  $1. 

Arthur  E.  Morgan,  in  Engineering  and  Contracting,  Feb.  1, 
1911,  gives  the  following  about  ditching  in  southeastern  Mis- 
souri : 

One  of  the  ditches  examined,  which  had  been  constructed  about 
a  year,  was  6  ft.  wide  on  the  bottom,  12  ft.  wide  on  top,  3^  ft. 
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deep,  and  in  good  order.  In  digging  it  two  ^^-Ib.  sticks  of  50^ 
dynamite  were  placed  3  ft.  apart  in  the  ground  and  between  3 
and  4  ft.  deep.  Two  men  construct  a  quarter  of  a  mile  of  ditci 
in  a  day.      ■  ' 

At  a  cost  of  15  ct;  per  pound  for  dynamite,  and  $20  per  mile 
for  placing  the  charges,  the  ditch  had  cost  about  5  ct.  per  cu.  yd. 
The  ditch  had  been  constructed  through  the  woods  without  cutting 
down  any  of  the  trees,  and  in  some  instances  the  fallen  trunks 
were  lying  across  the  channel. 

Cost  of  Ditching  with  Dynamite  in  Georgia.  Engineering  and 
Contracting,  July  9,  1919,  gives  the  following: 

In  connection  with  the  anti-malarial  "preparations  of  the  U.  S. 
Public  Health  Service .  in  the  extra  cantonment  zone  at  Camp 
Wheeler,  Ga.,  dynamite  was  used  in  the  ditching,. work.  The  best 
results  were  obtained  in  miieky  areas  where  the  mud  was  so  deep 
and  soft  that  hand  excavation  became  slow  and  difScult.  In  these 
cases,  the  use  of  dynamite  proved  satisfactory.  In  a  report 
on  the  Work  by  the  U.  S.  Public  Health  Service  the  following 
comparative  costs  of  ditching  by  hand  labor  and  with  dynamite 
are  given.  The  figures  are  for  two  adjacent  ditches  in  a  ^  large 
swamp  in  the  extra  cantonment  zone.  Ditch  No.  60  was  exca- 
vated with  dynamite.  This  ditch  was  2,802  ft.  long,  12  ft,  wide 
at  the  top  and  4  ft.  wide  at  the  bottom,  and  avaraged  5  ft.  deep. 
The  number  of  cubic  yards  of  material  removed  was  4,151.  Ditch 
No.  62  was  excavated  by  laborers  with  picks  and  shovels.  This 
ditch  was  3,591  ft.  long,  4  ft.  wide  and  3  fis.xdeep.  The  yardage 
was  1,596.  The  cost  of  excavation  in  the  case  of  ditch  60  in- 
cludes clearing  out  the  ditch  after  it  was  dynamited.  In  the 
case  of  ditgh  .62  thjB  cost  qi  excavation  includes  the  cpst  of  a  small 
quantity  of  dynamite  used  to  facilitate  the  removal  of  large 
stumps.  The -costs  of  excavating  each  ditch,  not  including  clear- 
i.ng,  were  as  follows: 

Ditch  60.  Ditch  62. 

Cubic  yarda 4,151  1,596 

/  .       Labor   cost    $308.90  $671.75 

'   '"'■'  Cbst  of  material    $1,265.10'    "  $38;'*5    ;"  ' ' 

Cost  o£   e-xcavation    $1,574.00  $710.60 

Cost  per   cu.   yd .' $0.39  $0.45 

Man  days  at  $3   103  224 

■  -  :.  Maji  days  per  cu.  yd.   ..: 0.024  0.140     -    , 

Cubic  yards  per  man  day ' 41.66  7.14'   ' 

The  report  states  that  it  is  probable  that  the  cost  of  exca- 
-^ting''  ditch  60  by  hand  would  have  greatly  exceeded  45  et.  a  cu. 
yd.,  owing  to  the  very  difficult  nature  of  the  soil  —  a  mass  of 
yielding  mud,  largely  under  water,  in  Which  it  was  almost  im- 
possible to  stand  ujp.  x  .         - 
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Blasting  a  Ditch  in  Quicksand  and  Clay.  Engineering  and 
Contracting,  Nov.  21,  1017,  gives  the  following:  At,  one  of  the 
plants  of  the  Aiperican  Bricly  Co.  a  channel  530  ft.  long,  ex- 
tending through  a  tangle  of  underbrush,  was  successfully  blasted. 
The  soil  is  quicksand  and  clay.  In  blasting  through  the  clay  a 
h.ole  was  bored  and  cartridges  pushed  down  yvith  a  stick,  no 
tamping  being  necessary  as  the  water  filled  the!,, hole. 

The  strip  of  quicksand  measured  about  35  ft.  across..  Tin 
tubes  about  %  in.  longer  than  .^  stick  of  dynamite  were  made. 
Cartridges  were  encased  in  the  tin  tubes  and  then  pushed  down 
into  the  quicksand. 

The  eartridgp  were  spaced  about  2  ft.  apart,  both  in  the 
quicksand  and  in  t^ie,  clay.  ,,In,one  hole  the  charge  consisted 
of  1%  cartridges.  Tie  next  hole  contained  1  cartridge,  And 
so  on  alternately  down  ttie  line.  The  cartridges  were  put  down 
to  a  depth  of  about  2%  ft.  The  resulting  shot  gave  a' ditch 
about  3  ft.  deep  and  6   ft.  wide. 

Ditch  Excavation  by  Scrapers.  When  scri(,pers  are  used,  with 
the  exception  of  power  scrapers,  the  ground  must;  first,  be  loos- 
ened by  a  plov.  Two  useful  scrapers  for  small  ditches  are  the 
Chicago  Tongue  Scraper  and  the  Haslup  Side  Scraper.  These 
are  described  and  illustrated  in  GJhapter  ,IX. 

The  rotary .  scraper  can  ajso  he  used  for  ditch  excavation. 
This  4s  a  California  invention.  The  scraper  consists  of  a  square 
pan  that  revolves  about  two  fixed,  points  in  a  frame  made  up  of 
the  bail  and  the  handles,  instead  of  being  attached  rigidly  to 
the  handles  as  is  a  drag  scraper.  The -scraper  is  loaded  in  the  ' 
usual  way,  and  is  dumped  by  the  driver  releasing  a  catch  at 
the  handle,  thus  allowing  the  movemeijt  of  the  scraper  to  duinp 
itself.     ,   ;     , 

The  other  styles  of  scrapers  caii  all  be  used  either  in  exca- 
vating small  or  large  ditches.  However,  the  ground  must  be 
dry  enough  to  allow  horses  to  walk  over  it  without  becoming 
mired.  Even  if  horses  sink  but  a  few  inches, into  tfie  ground  as 
they  walk,  l^heir  work  is  greatly  retarded.  Drag  scrapers  oper- 
ate poorly  in  very  wgt  placps;  The  suction  of  water  on  the 
bottom  of  the  pans  makes  the,  work  hard  for  the  Horses,  but  in 
dry  material  good  work  caji-  be  done,  even  when  pulling  up 
steep  slopes.  However,  where  the  ditch  is  large  enough,  buck 
or,  Fresno  scrapers  can  be  used  insteacl  of  drag  scrapers;  and 
with  leads  less  than  60  ft.  more  economic  work  will  be  done. 
Ditches  6  to  8  ft.  deep  can  readily  be  dug  with  buck,  scrapers. 
The  mass.pf  the  yardage  can  he  moved  with  tliem  and  then,  drag 
scrapers  can  be  used  to  finish  and  dress  up  the  work. 

For    deep    ditches    and    where    the    haul    on    the    excavated 
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material  is  long,  wheel  scrapers  will  be  found  Superior  to  either 
drags  or  buck  scrapers.  But  the  ditch  must  be  wide  enough 
for  two  teams  ■  to  pass  one  another,  or  else  the  loaded  scraper 
cSnnot  get  by  the  snatch  team  without  delaying  the  work. 

Another  kind  of  scraper  that"  can  be  used  to  advantage  in  ditch 
construction  is  the  Maney  four-wheel  scraper.  This  scraper  has 
been  described  in  Chapter  IX. 

Power  scrapers  are  also  well  adapted  to  ditch  construction. 
Some  form  of  a  derrick  car  or^movable  derrick  is  used  to  oper- 
ate the  scrapers.  Descriptions  of  power  scrapers  are  given  in 
Chapter  XIV. 

Cost  of  ExcE^vating  Bitches  with  Drag  Scrapers.  The  out- 
put of  scrapers  at  the  experimental  farm ,  of  the  University  of 
Minnesota  is  given  in  Engineering  and  Contracting,  Oct.  21, 
1908.  The  ditches  were  about  3  ft.  deep  and  4.65  ft.  wide. 
The  scrapers  were  for  the  most  part  used  for  finishing  up  ditches 
excavated  by  elevating  graders.  On  one  ditch  a  drag  scraper 
excavated  at  the  rate  of  43.5  cu.  yd.  per  day,  and  on  another 
at  the  rate  of  41  cu.  yd.  per  day.  Each  scraper  required  the 
services  of  1  team  and  1.5  men.  The  contractor  acted  as  his 
own  foreman  handling  the  teams  in  gangs  of  4  to  6  scrapers. 
With  wages  for  laborers  and  drivers  at  $2.00  per  day,  the  cost 
of  horses  at  $1.50  each,  and  allowing  $3.00  per  day  for  the  serv- 
ices of  a  foreman,  the  cost  per  cu.  yd.  was  16  ct.  On  other 
ditches  an  experienced  ditch  man  and  team  excavated  at  the  rate 
of  65  cu.  yd.  per  day,  and  a  contractor  with  2  teams  and  3 
men  in  a  gang  averaged  100  cu.  yd.  per  gang  per  day,  or  50  cu. 
yd.  per  scraper. 

See  Chapter  IX  for  other  cost  data. 

Cost  of  Main  Canal  for  Fayette-Boise  (Idaho)  Irrigation 
Project.  Engineering  and  Contracting,  Sept.  16,  1908 j  gives  the 
following : 

Work  under  tl>e  contract  was  begun  in  Feb.,  1906,  and  was 
completed  in  March,  1908.  The  total  amount  invested  by  the 
contractor  and  sub-contractors  in  plant  was  estimated  to  he 
$39,836,  $28,230  of  which  was  invested  in  teams  and  harness. 
In  estimating  interest  charges  the  value  of  horses  and  harness 
was  not  included  as  they  were  considered  in  the  cost  records 
at  current  rate  of  wages  for  teams. 

During  the  first  portion  of  the  contract  laborers  worked  10  hr. 
per  day,  but  during  the  latter  portion  an  8-hr.  day. 

The  following  current  wages  were  paid  for  an  8-hr.  day: 
Superintendent,  $125  per  month;  time-keeper,  $100  par  month; 
foreman,  $3  to  $4  per  day;  powder  man,  $3;  drivers,  $2.50; 
common  labor,  $2.25;  stable  boss,  $67  per  month. 
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No  materials  -were  fiirnished  by  the  contractor,  but  consider- 
able supplies  were  needed  in  conjunction  with  the  excavation  of 
rock.  Coal  delivered  on  the  work  cost  $9  per  ton,  black  powder 
$2  per  keg,  giant  powder  $0.15  per  lb.,  and  lumber  $22  per  M. 
ft.  B.M.    ^ 

The  greater  part  of  Class  I  excavation  consisted  of  a  stiff 
loam  containing  a  considerable  amount  of  clay  with  loose  rocks 
of  various  sizes  scattered  through  the  mass.  About  one-half  of 
this  material  was  handled  with  Fresno  scrapers,  the  remainder 
being  handled  in  wheel  and  drag  scrapers.  Nearly  alL  of  the 
excavation  was  taken  from  the  canal  prism,  there  being  very 
little  taken  from  borrow  pits. 

Class  2  excavation  consisted  of  indurated  material  that  could 
be  plowed  by  10  horses.  This  material  was  usually  found  be- 
neath Class  1  material,  and  after  plowing  consisted  mainly 
of  a  mass  of  lumps  of  earth  of  various  sizes.  The  lumps  were 
broken  by  the  passage  of  horses  and  scrapers  over  them,  and 
were  loaded  and  hauled  by  means  of  Fresno  and  wheel  scrapers.. 

Class  3  excavation  consisted  of  indurated  material  that  re- 
q'lired  blasting  before, it  could;  be  removed,  but  that  could  be, re- 
moved by  the  use  of  wheel  scrapers.,  This  material  occurred  lo- 
cally and  was  found  usually  near  the  grade  plane  of  the  canal. 

.Glass  ■  4  ,  excavation  consisted  of  bowlders  less  than  one-half 
cubic  yard  in"  volume  that  would  prevent  plowing  and  the  use  of 
scrapers,  and  was  scattered  quite  generally  throughout  Class  1 
material.  These  boulders  were  usually  removed  by  means  of 
stone  boats  working*  in  conjunction  with  wheel  or  Fresno 
scrapers.  :      i        .   ,    ,  i 

Class  5  excavation,'  consisted  of  boulders  exceeding  one-half 
cubic  yard  in  volume  and  solid  rock,  requiring  blasting  for  re- 
moval. All  drilling  was ,  performed  by  hand  and  a  greater  part 
of  the  blasting  was,  done  with  black  powder,  though  a  small 
amount  of  giant  powder  was  used.  About  ,  two- thirds  of  this 
class  of  material  was  encountered  in  three  of  the  heavier  cuts, 
the  remainder,  being  scattered  along  the  entire  length  of  the 
canal.  This  material  was  moved  by  means  of  stone  boats,  but 
horse  power  derricks  were  used,  together  with  the  stone  boats, 
in  the  deeper  cuts  with  less  satisfactory  results. 

Table  I  gives  the  cost  of  the  work. 

The  following  was  the  yardage  of  each  class : 

Class    1  .-• ■  «7,7S5 

!      Class. 2 ,••      69.009, 

Class    3 20,303 

Class    4 10,933 

Class    5 ••• 85,828  , 

Total  cu.  yd • 653,858 
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'    Thpre  were  207,074  cu.  yd.  of  "overhaul"  that  cost   2.3  ct. 
jper.  cu.  yd. 

.TABLE   I     COST  PER  CU.  YD.   ON   MAIN   CANAL,    PAYETTE-BOISE 
IKBIGATION  PROJECT 

Class  of  Excavation 

(1)       (2)  (3)  (4)  (5) 

Interest   on   investment    $.002' $.005  $.008^  $.009  $.017 

'    Preparatory  expense    001      .002^     .004 ,  .004  .008 

Plant    depreciation    003      .006  .008  .009  .020 

Repairs     ......: 006'     .011  .014  .017  .042 

'General    supplies   ■■      -OOl      -002  .004  .003  ,007 

Superintendence    014      .025  .031  .033  .092 

Grubbing  right  of  way QOl      .001  .002  .001  .002 

Plowing      019      .056  .058  .085 

Drilling,  by  hand   057  .021  .209 

'  Explosives  and '  drill  steel ...  .098  .029  .225 

Loading,  hauling  and  spreading  ...      .089      .164  .255  .294'  .507 

Finishing     006      .016  .021  .032  .„.. 

Water,  original  cost,  and  hauling.      .001      .003  .001  .001  .004,  ' 

,    Contractor's   total   cost    .143      .291      .561      .538    1.133      ' 

tr.  S.  engineering .007      .016      .022      .035      .046 

Total  cost    $.150    $.307    $.583    $.573  $1,175 

Cost  of  Canal  Excavation  for  TTncompahgre  Irrigation  Proj= 
ect,  Colorado.  Engineering  and  Contracting,  Nov.  18,  1908, 
gives  the  following : 

The  work  covered  4,400  lin.  ft.  of  the  South  Canal,  which 
was  begun  in  June,  1907,  and  completed  in  May,  1908,  at  a  total 
cost  of  $22,932.  The  canal  has  a  bottom  width  of  40  ft.,  side 
slopes  of  2  to  1,  water  depth  of  8.3  ft.,  aijd  a  discharge  of  1,175 
second-feet. 

Class  1  excavation  contained  all  material  that  could  he  plowed 
by  an  average  six-horse  team,  each  animal  weighing  not  less 
than  1,400  lb.,  attached  to  a  suitable  breaking  plow,  and  also 
all  isolated  masses  of  rock  not  exceeding  i^  cu.  yd.  in  volume. 
Class  2  excavation  consisted  of  material  originally  of  the  na- 
ture of  Class  1,  but  so  saturated  with  water  as  to  render  the 
use  of  teams  in  the  ordinary  manner  impossible.  Class  3  exca- 
vation- consisted  of  indurated  material  of  all  kinds  that  could 
not  be  plowed  as  Class  1,  or  that  required  loosening  with  powdfer 
beifore  being  removed  in  scrapers,  and  also  all  loose  material  in 
which  large  rocks  occurred  to  such  an  extent  as  to  prevent  the 
use  of  plows  and  scrapers,  excluding  masses  exceeding  1  cu.  yd. 
in  volume.  Class  4  excavation  consisted  of  rock  in  masses 
greater  than  1  cu.  yd.  in  volume  and  requiring  drilling  and 
blasting  before  removal.  The  limit  of  free  haul  was  300  ft. 
About  73%  of  the  material  was  removed  with  drag,  Fresno  and 
wheel  scrapers,  about  -27%  with  a  slip  and  chain,  and'  the  re- 
mainder with  shovels  and  wheelbarrows, 
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The  weather  conditions  were  good  for  the  performance  of 
work  throughout  the  continuance  bf  the  contract,  and  the 
management  was  good  with  the  exception  of  insufficiency;  in 
the  number  of  foremen  employed.  Labor  was  scarce  and  high. 
On  the  excavation  laborers  were  paid  at  the  rate  of  from  $2.25 
to  $2.50  per  day;  foremen  at  the  fate'  of  $3  per  day  and  the 
superintendent  at  the  rate  of  $122.50  per  month. 

The  yardage  was  as  follows: 

Class  1  i ,,  24,194 

Class  2  16,054 

Class  3  17,05S 

Class  4  ; 1.100    . 

Total  cu.  yd .' 56,406 

'  There  wiere  6,600  cu.  yd.  of  "overhaul"  that  cost  1.7  ct.  per 
ou.  yd.  •. 

The  unit  costs  of  the  different  classes  of  work  are  given  in 
Table  I.  ' 

TABLE  I.    COSTS  ,PER  CD.  YD.  OF:  EXCAVATION-  OF  IREIGATION 
CANAL,  UNCOMPAHGRE  PROJECT,  COLORADO 

.  Class  1    Class  2  Class  3  Class  4 

Interest     $0,002      $0,005  $0,003  $0J)06 

Plant   depreciation    0.002       0.006^  0,004  0.008 

Executive    ...:;  '0.t)28  •    ^0.070  0.048  0.062 

Laboi; 0.197       0,503  0.339  0.439 

Supplies ....        0.002  0.001  0.260 

Contractor's   total  cost   ....    $0,229  $0,586  $0,395  $0,775 

U.  S.  materials ....         .... 

U.    S.   engineering    $0,013  $0,009  $0,012  $0,001 

X 

Total    cost    :.' $0,242  $0,595  $0,407  $0,776 

Cost  of  Huntley  Irrigation  Canal.  Engineering '  and  Con- 
tracting, Jan.  20,  1909,  gives  the  following: 

Division  1  of  the  Main  Canal  of  the  Huntley  Project  contains 
a  auction  of  about  390  ft.  in  length,  having  a  depth  of  17  ft.,  a 
base  of  14.5  ft.  and  side  slopes  of  ^  on  1 .  In  addition  to  the 
inaterial  covered  in  this  prism,  there  were  about  2,000  cu.  yd. 
of  material  excavated  above  the  general  level  on  one  side  of 
the  canal  extending  to  the  top  of  a  cliff  along  the  base  of  which 
the  carial  takes  its  course.  The  work  of  excavation  of  this  sec: 
tion  of  the  canal  was  done  by  contract,  and  below  is  given  a 
summary  of  tiie  cost  of  the  #ork  to  the  contractor.  -■.'.. 

The  excavation  was  divided  into  the  three  following  classes  :■ 
Class  1,  earth  or  material  that  could  be  plowed  and  handled 
with  scrapers;  Class  2,  loose  rock  varying  in  volume  from  2  to 
20  cii!  ft. ;  Class  3,  solid  rock  or  material  not  Inpluded  ih  either 
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of  the  foregoing  classes.  ^  Most  of  the  material  consisted  of 
a  bluish  gray  sandstone  of  medium  hardness  and  was  paid  for 
under  Class  3. 

The  material  excavated  from  the  main  prism  of  the  canal  was 
loosened  by  blasting  with  40%  gelatine  dynamite.  All  drilling 
for  blasting  was  done  by  handv  About  two-thirds  of  the  ma- 
terial was  removed  in  small  cars  of  %  eu.  yd.  capacity.  The 
finer  portions  of  the  remainder  were  loaded  by  hand  into  one- 
horse  dump  carts,  and  hauled  a  distance  of  about  200  ft.;  and 
the  larger  pieces  were  rolled  onto  sheet  steel  sleds,  which  were 
unloaded  by  driving  the  sleds  over  the  side  of  a  near-by  dump, 
causing  the  rock  to  roll  off  the  sled.  The  material  taken  from 
the  cliff  above  the  canal  prism  was  handled  in  the  same  manner 
as  the  coarser  portions  from  the  canal  prism. 

The  principal  superintendent  was  paid  at  the  rate  of  $6.67  per 
8-hr.  day;  the  assistant  superintendent,  $5.75;  the  foreman, 
$3.25;  laborers,  from  $2  to  $2.40;  single  horse  and  cart,.  $1; 
team  and  car,  $2;   team  and  driver,  $4;   blacksmith,  $2,80. 

In  Table  I  the  cost  of  the  principal  and  assistant  superin- 
tendent and  the  foreman  has  been  charged  ■  under  Executivfe,  the 
cost  of  all  other  work  under  Labor,  and  the  cost  of  coal,  oil  and 
blasting  material  under  Supplies. 

TABLE  I.    COST  PER  CU.  YD. 

Glass  1  .         Class  2  Class  3 

391  CU.  yd.  1,507  cu.  yd.  6,427  cu.  yd. 

Executive     $0,009  $0,139  $0,127 

Labor     0.091  0.646  0.905 

Supplies    .0.103 

Total     $0.10S  $0,785  $1,135' 

Cost  of  Klamath  Irrigation  Canal.  Engineering  and  Contract- 
ing, May  19,   1909,  gives  the  following: 

About  12.3  miles  of  South  Branch  Canal  on  Klamath  Project 
were  constructed  under  two  contracts  during  the  season  of  1908 
and  part  of  1909.  The  upper  end  of  the  canal  is  about  8  miles 
from  Klamath  Falls,  and  the  whole  of  the  work  was  <  divided 
into  eight,  schedules  averaging  about  li^  miles  in  lengih.  Sched- 
ules 1,  2  and  3  were  constructed  under  contract,  the  greater 
part  of  the  work  being  done  from  May  to  December,  1908,  The 
excavation  of  about  8,000  cu.  yd.  on  schedule  1  was  delayed  until 
the  spring  of ,  1909  and  was  finished  in  March.  On  schedules  1 
and  3  the  bottom  width  is  from,  15  to  18  ft.  and  the  slopes, are 
1%  to  1.  On  schedule  2  the  canal  is  built  entirely  in  em- 
banknient  with  a  bottom  width  of  3.8  ft.  and  on  side  slope  of 
11^  to  1.     On  this  schedule  the  material  for  the  outer  triangles 
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of  the  canal  banks,  amounting  to  about  40%  of  the  total,  was 
deposited  in  ]2-in.  layers  in  the  ordinary  manner  of  building 
embankments,  but  the  other  60%  of  the  material  was  deposited 
in  6-in.  layers,  sprinkled,  and  rolled.  Schedules  4,  5,  6,  7  and  8 
were  constructed  under  formal  contract  and,  informal  specifica- 
tions, the  greater  part  of  the  work  being  done  from  August  to 
December,  1908.  A  small  amount  of  work  on  schedules  4  and  8 
was  done  in  the  winter  of  1908-9,  and  finished,  in  March,  1909.  ' 
For  all  of  schedules  4,  5,  ■  6,  7  and  8  the  bottom  width  of  canal 
is  11.5  ft.  and  the  side  slopes  1%  to  1. 

On  all  schedules  most  of  the  material  excavated  was  earth  that 
could  be  plowed  by  six-horse  teams,  and  in  general  no  bad  con- 
ditions were  encountered.  A  small  amount  of  indurated  ma- 
terial that  required  blasting  _  before  scrapers  could  be  used  was 
encountered,  but  no  separate  estimate  of  the  cost  ofexcavating 
this  material  was  kept.  The  per  cent  of  this  material  in  terms 
of  the  whole  amount  of  excavation  on  the  several  schedules  is, 
however,  tabulated  with  the  unit  costs. 

On  the  iSrst  contract,  covering  schedules  1,  2  and  3,  an  estimate 
of  interest  on  investment  is  made  at  6%  per  annum  on  the  es- 
timated value  of  aiiiinals  and  equipment.:  For  the  second  con- 
tract, covering  the  other  schedules,  no  estimate  of  interest  on 
Investmfot  has  been  made.  For  both  contracts  an  estimate  of 
depreciation  of  equipment  has  been  made  at  2%  per  month  on 
the  total  value  thereof.  The  weather  and  labor  ct)nditions  were 
generally  good  under  both  contracts.  The  Wages  for  common 
labor  were  $2  per  day,,  and  the  cost  of  animals,  including  de- 
preciation, was  estimated  at  $1  per  day  each. 

Table  I  gives  the  unit,  costs  of  the  work,  including  cost  to  th^ 
contractors  and  the  engineering  expenses  of  the  United  States, 
together  with  other  useful  information  relating;  to  the  work. 

Using  an'  Engine  instead  of  a  Snatch  Team  to  Xoai^  Scrapers. 
In  the  construction  of  a  canal  in  connection  with  an  irrigation 
scheme,  part  of  the  material  was  removed  by  means  of  wheel 
scrapers.  The  canal  was  to  be  40  ft.  wide  at  the  bottom,  with  1 
to  1  side  slopes,  varying  in  depth  up  to  42  ft.  The  canal  was 
dug  mostly  in  clay,  but  there  was  some  rock.  The  spoil  was 
placed  alongside  of  the  cutting,  leaving  a  berm  30  ft.  wide.  Part 
of  the  material  was  removed  by  scrapers  of  about  16  cu.  ft. 
capacity  drawn  by  two  horses.  An  ordinary  winding"iengine  was 
used  instead  of  an  extra  team  of  horses  for  loading  the  scrapers^ 
The  engine  was  placed  6n  the  bank,  close  to  the  edge  of  the 
excavation,  so  that  the  %-in.  wire  hauling  rope  might  pass  either 
way  about  300  to  400  ft.  along  the  canal.  The  hauling  rope 
was  attached  and  detached  at  the  pole  of  the  scraper  by  a  la- 
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borer;  a  pony  driven  by  another  attendant  was  used  to  drag  the 
rope  from  place  to  place  for  this  laborer.  In  order  to  prevent 
the  scraper  cutting  too  deeply  and  to  prevent  undue  pressure  on 
the  necks  of  the  horses  a  gage,  wheel  was  used  under  the  rear 
end  of  the  pole. 

Cost  of  Canal,  Milk  River  Project.  A.  E.  Bechtel,  in  Engi- 
neering and  Contracting, -Sept.  20,  1916,  gives  the  following:  ' 
The  earth  work  of  the  second  unit  of  the  Dodson  North  Canal, 
Milk  River  Irrigation  Project,  near  the  town  of  Malta,  Mont., 
was  begun  on  Sept.  1,  1913,  and  completed  on  Sept.  1,  1914,  by 
contract.  There  were  230,000  cu.  yd.  of  excavation  in  canals  and 
70,000  cu.  yd.  in  waste  water  ditches.  The  canals  were  from 
5  to  10  ft.  bottoms  with  a  slope  of  2  to  1,  and  contained  from 
100  cu.  yd.  to  1,300  cu.  yd.  to  the  station  of  100  ft.,  averaging 
about  400.  Approximately  20,000  cu.  yd.  was  wet  and  30,000  cu. 
yd.  was  hillside  work. 

The  waste  water  ditches  had  from  3-ft.  to  20-ft.  bottoms 
(mostly  3  ft.)  with  a  slope  of  1^.  to  1,  and  averaged  about  100 
cu.  yd.  per  station;  10,000  cu.  yd.  was  wet  excavation.  About 
35,000  cu.  yd.  were  cast  into  the  canal  banks  with  an  Austin 
reversible  elevating  grader  pulled  by  a  30-60  hp.  Pioneer  gas 
tractor,  and  25,000.  cu.  yd.  of  the  excavation  of  the  ^  waste  water 
ditches  were  cast  out  with  an  Austin  senior  elevating  grader. 
These  Jnachines  were  operated  two  and  three  shifts  during  the 
fall^of  1913  and  one  shift  during  1914. 

The  remainder  of  the  work,  240,000  cu.  yd.,  was  done  with  5-ft. 
fresnoes,  excepting  the  finishing  of  the  waste  water  ditches, 
which  was  done  with  drag  scrapers,  and  about  5,000  cu.  yd.  of 
over-haul  done  with  wheelers.  About  60,000  cu.  yd.  of  the  work 
was  sub-contracted  but  the  costs  here  are  the  costs  to  the  sub- 
contractors. 

The  material  excavated  in  the  canals  and  laterals,  other  than 
that  designated  as  wet,  was  average  clay  soil  with  more  or 
less  gumbo.  The  waste  water  ditches  were  mostly  gumbo  and 
baked  so  hard  that  in  excavating  it  with  a  grader,  it  was 
hard  to  keep  the  plow  in  the  ground. 

The  cost,  to  the  contractor,  of  134,517  cu.  yd.  excavated  in 
1913  was  21.3  ct.  per  cu.  yd.,  a  typical  section  being  No.  ,  1 
which  contained  13,192  cu.  yd.  excavated  by  fresnoes  at  a  cost 
per  cu.  yd.  of :  _  , 

Ct. 

,  Labor     • 8.2 

T'eams     ^-^ 

Superintendence 2.4 

Equipment     ".9 

General    expense    2.7 

Total  per  cu.  yd 20.5 
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The  coat  of  excavating  116,124  eu.  yd.  in  1914  was  as  fol- 
lows : 

Team  Work  — 

Superintendence      $0.0100 

Foreman.     0.0114 

Plow : 0.0160 

Fresno  . 0.0771 

Blacksm'itK     0.0012 

Fence  and  grubbing    .' 0.0005 

Finishing     0.0028 

Equipment,    hardware   and  tools    0.0161 

G-eneral  -expense  '  .  ^ ..■ 0.0038 

Labor,   erecting,   moving  and  maintaining  camp..  0.d0i4 

Cook     ...■...'... .- 0.0044 

Labor,  hauling' camp  and  table  supplies  j. 0.0020 

Labor,   maintaining  stable 0.0036 

Total,  teams,  93,949  cu.  yd J0.1503 

Machine  Work  — 

Superintendence     $0.0024 

Labor    0.0302 

Gas   and  oil    0.0297 

Repairs     .....: 0.0188 

-Equipment,    hardware   and  tools    0.0683  - 

Total  machine,  22,175  cu.  yd $0.1494 

Total  — Machine   and   teams,    116,124  cu.   yd...      0.1501 
The    machine    consisted    of    a    Reversible    Austin    Elevating 
Grader  and  Pioneer  Tractor. 

Work  on  48  structures  (spillways,  culverts,  etc.)  involving  17,- 
644  ci!.  yd.  of  excavation  and  8,115  cu.  yd.  of  backfill,  was  done  at 
an  average  cost  of  61  ct.  per  cu.  yd.  of  excavation,  distributed:  aa 
follows: 

Ct. 

Foreman .- 2.0 

Excavation     35.0 

Backfill     ^ 7.0 

Total  field  cost   44.0 

General  supervision   5.0 

Equipftient 5.0       , 

General  expense    7.0 

Total      61.0    , 

The  material  was  clay. 

In  snjall  jdbs;  where  the  clay  was  hard,  the  excavation  usually 
cost  about  as  follows,  for  a  spillway  excavation  of  54  cu.  yd. 
with  no  backfill: 

Foreman      . . » $0.17 

Excavation l!24 

General    supervision    ;.      0.13 

Equipment      0.19 

General    expense 0.19 

Total  per  cu.  yd $1.92 
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In  excavating  for  culverts  in  average  clay,  all  the  excavation 
being  subsequently  backfilled,  the  following  was  a  typical  cost. 

Foreman    J0.03 

Excavation     0.43 

Backfill 0.12 

General  supervision    0.05 

Equipment      ; '. 0.07 

General  expense   0.08 

Total  per  cu.  yd $0.78 

Use  of  Elevating  Graders  for  Ditching.  Elevating  graders  can 
be  used  for  ditch  construction,  but  in  very  wet  ground  they  ^re 
barred  as  the  horse  or  engine  used  to  propel  them  would  be 
mired. 

For  ditch  work,  especially  where  there  is  tough  grass  and  small 
roots,  a  disc  plow  on  a  grader  will  do  more  efficient  work  than  the 
ordinary  turning  plow.  The  disc  plow  also  throws  the  material 
onto  the  elevating  belt  better.  For  such  work  the  elevator  should 
be  extended  to  30  ft.  if  the  ditch  is  a  wide  one.  It  is  in  this 
class  of  work,  where  the  material  is  thrown  onto  the  banks,  that 
an  elevating  grader  reaches  its  greatest  capacity.- 

One  objection  to  an  elevating  grader  in  ditch  construction 
is  that  the  machine  will  not  finish  off  the  slopes  or  the  bottom 
of  the  trench,  as  the  plow  runs  irregularly.  But  the  work  can 
he  done  very  cheaply,  and  the  ditch  can  be  finished  off  at  small 
cost  with  road  machines  and  scrapers. 

For  narrow  ditches  the  machine  is  not  very  well  adapted,  a 
width  of  8  ft.  at  the  bottom  being  necessary,  but  in  wide  ditches 
it  will  do  excellent  work,  and  the  cost  of  dressing  up  the  ditch 
is  proportionately  smaller. 

Fig.  20  (1-4)  indicates  the  types  of  ditches  that  may  be  ex- 
cavated with  an  elevating  grader,  and  the  methods  of  attacking 
the  work.  Fig.  20-1  shows  a  ditch  2  ft.  deep  and  4  ft.  wide  on  the 
bottom  with  11^  to  l^lopes.  In  cutting  a  ditch  of  this  sige  a  15-ft; 
elevator  is  used.  The  earth  is  thrown  from  the  left  side  of  the  cut 
to  the  right  bank,  and  in  returning  it  is  thrown  in  the  opposite 
direction.  This  method  is  knownas  "  cross-firing.''  This  is  about 
the  minimum  size  of  ditch  which  can  be  practically  excavated  in 
this  manner. 

Fig.  20-2  shows  a  ditch  which  may  be  excavated  by  the  use  of 
two  sizes  of  elevators.     The  first  2  ft.,  in  depth  is  excavated  with  a 
15-ft.  elevator  starting  the  cut  along  the  outside  of  the  ditch  and 
working  toward  the  center.     The  last  2  ft.  is  then  excavated  by  • 
an  18-ft.  elevator,  leaving  a  berm  of  about  2  ft.  on  each  ■side.. 

Fig.  20-3  represents  a  ditch  which  is  deeper  than  can  be  handled. 
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ordinarily  with  an  elevating  grader.  By  using  the  following 
method,  however,  such  a  ditch  can  be  successfully  handled. 
Using  a  21-ft.  elevator  the  top  2  ft.  are  first  excavated,  and  to  a 
width  6  ft.  beyond  the  required  ditch  line.  .  This  extra  section 
taken    ouf  will   be   refilled   from   the   bottom    out.     The   second 


f  3. 
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Fig.  20,     Sizes  of  Ditch  That  Can  Be  Dug  with  Elevating  Graders. 


operation  is  to  excavate  the  next  3  ft.  in  depth.  This  section  ia 
narrowed  down  to  23  ft.  on  top,  this  being  the  width  of  the  re- 
quired section  of  ditch  as  shown  by  this  drawing.;  The  first  two 
operations  will,  in  this  case,  take  out  5  ft.  in  depth,  using  the 
method  of  working  from  the  outer  edges  of  the  ditch  toward. the 
center.     The  third  operation  consists  of  cross-flring;  and  depositing 
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the  earth  from  the  bottom  of  the  cut  into  the  sections  lettered 
a  in  the  figure. 

Fig.  20-4  shows  a  side  hill  cut.  This  ditch  cannot  be  so  eeo- 
nomically  excavated  as  the  others  since  the  spoil  bank  is  limited 
to  one  side  of  the  cut  and  the  machine  Operates  in  one  direction 
only,  making  the  return  trip  empty. 

The  downhill  slope  is  usually  plowed  as  indicated  in  the  figure 
to  prevent  sliding  of  the  embankment  and  to  prevent  the  larger 
chunks  of  earth  from  rolling  down  hill.  For  a  ditch  of  the  dimen- 
sions indicated  an  18-ft.  elevator  should  be  used. 

The  outputs  of  elevating  graders  excavating  ditches  for  the 
drainage  system  of  the  Minnesota  University  expeirimental  farm 
are  given  in  Engineering  and  Contracting,  Oct.  21,  1908.  The 
ditches  were  excavated  an  average  width  of  about  3  ft.  at  the 
bottom  and  a  depth  of  4.65  ft.  On  one  ditch  a  grader  removed 
2,040  cu.  yd.  at  the  rate  of  450  cu.  yd.  per  day  of  10  hr.,  and 
on  another  ditch  it  removed  4,000  cu.  yd.  at  the  rate  of  1,000  cu. 
yd.  per  day.  Sixteen  horses  and  4  men  were  required  for  the 
operation  of  a  machine.  If  the  rate  of  pay  of  men  was  $2  per 
day  and  of  horses  $1.50  per  day  each,  the  cost  was  3.2  to  7.1  ct. 
per  cu.  yd.     In  finishing  up  theSe  ditches  drag  scrapers  were  used. 

See  Chapter  IX  for  other  data  on  elevating  grader  work. 

Ditch  Excavation  with  a  Grab-Bucket  Excavator.  Engineer- 
ing and  Contracting,  Oct.  13,  1909,  describes  work  done  in  the 
Jlodesto  and  Turlock  districts  along  the  San  Joaquin  river  in 
California.  An  irrigation  canal  about  20  ft.  wide  on  the  sur- 
face, and  G  ft.  deep  with  steep  sides  was  dug.  It  was  anticipated 
that  the  sides  would  cave,  leaving  a  canal  about  3V2  ft-  deep. 
Most  of  the  soil  encountered  was  sandy;  hardpan  lying  under 
the  sand  at  varying  depths. 

The  dredge  cost  $5,000.  It  is  oi  the  type  which  moves  iii  the 
axial  line  of  the  canal  to  be  diig  and  recedes  from  the  breast 
-of  the  canal  as  it  is  excavated.  It  differs  from  the  side  line 
dredge  in  that  its  boom  motion  is  produced  by  a  turntable.  '  The 
dredge  machinery  is  mounted  on  a  skid  platform  18  by  30  ft., 
which  rests  on  several  movable  wooden  rollers  run  on  planks 
placed  on  -the  ground.  As  the  canal  is  excavated  the  dredge  is 
moved  3  to  5  ft.  at  a  iime  by  means  of  a  steel  cable  anchored  to  a 
''  dead  man "  several  hundred  feet  ahead  of  the  dredge,  and 
wound  on  a  drum,  which  is  power-driven  by  a  worm,  gear  from 
the  engine.  The  tower  or  A-frame  which  supports  the  40-ft. 
boom  is  20  ft.  high.  This  boom  supports  the  cable  sheaves  for  the 
bucket  and  inclines  about  45°,  but  has  no  vertical  motiori,  al- 
though it  may  be  swung  about  180°  horizontally  by  a  eable-prb- 
pelled   turntable  located  at  the   front  of   the   dredger  under   the 
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tower.  The  bucket  is  a  1-cu.  yd.  capacity  clam-shell  type,  weigh- 
ing about  2,800  lb.  The  machine  is  controlled  by  means  of  three 
levers  and  two  foot  brakes,  mounted  on  a  platform  oiJ  the  A- 
frame.  Power  is  furnished  by  a  25-hp.  single-cylinder  gasoline 
engine,  which  drives  a  -series^of  combination  gear  and  friction 
brake  drums  controlling  the  motion  of  the  excavating  bucketi 
The  following  was  the  operating  cost  per  month : 

Crew: 

Fo'reman    $  95.00 

Assistant  foreman   85.00 

Swamper     , 50.00 

Swaniper,"  one-half  month  > 25.00 

Han  ani  team   (half  time)    50.00 

Total    creiv    $305.00  ^ 

Supplies : 

400  ft.  %-in.  hoisting  cable  $  50.40 

6>^   gals,   gasoline-  1.60 

3  gaU.  lubricating  oil  3.75 

5  lb.  Hecla  compound  1.25 

595  gals,  distillate,  at  7.5  ot.  per  gal 44.63 

1  cylinder  cup   3.00 

Ebllers 21.00 

-  Large  intermediate  gear   14.00 

172  lb.  dynamite,  at  16  ct.  per  lb 27.52 

1,000   ft.   fuse    7.50 

2  boxes  caps   1.60 

Depreciation  of  dredge   ($5,000) 40.00 

Total  supplies  and  depreciation  $216.24 

Total  cost  of  excavation_jper  mo ; $521.24 

Total  cubic  yards  excavated 14,941 

Cost  per  cubic  yard  excavated $0,035 

Operation  cost  per  hour  (based  on  255  hours) $2.05 

Operation  cost  per  hour  (based  on  200  hours) $2.61 

Cubic  yards  excavated  per  hour  (based  on  255  hours)  58.6 

Cubic  yards  excavated  per  hour  (based  on  200  hours)  74,7 

An  actual  cost  of  3.5  ct.  per  cu.  yd.  of  excavation  is  very  good 
under  ordinary  conditions,  and  especially  low  considering  the 
fact  that  this  cost  includes  excavation  of  hardpan  and  that  the 
proportion  of  time  lost  in  making  repairs  was  abnormal.  The 
customary  contract  price  for  moving  surface  earth  with  teams 
in  this  district  has  been  about  8  ct.  per  cu.  yd.  where  no  hard- 
pan  is  encountered,  and  the  excavation  of  hardpan  has  cost  as 
high  as  50  ct.  per  cu.  yd.  Comparing  this  with  the  above  figure 
of  3.5  ct.  gives  a  decided  advantage  in  favor  of  dredge  operation 
where  practicable. 

The  output  was  747  cu.  yd.  per  10-hr.  day  for  20  days  per 
month. 

Cost  of  Excavating  Drainage  Ditch  With  a  Dragline  Exca- 
vator.    Ray  S.  Owen,  in  Engineering  and  Contracting,  Mar.  11. 
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1914,  givea.the  following  data  regarding  the  cost  of  excavating 
drainage  ditches- in  Rock  County,  Wis.  The  machine  used  was  a 
dragline  dredge  with  steam  power,  running  on  a  track  laid  by 
hand  and  propelled  by  pulling  on  a  dead  man  with  the  hoisting 
drum.  The  operating  crew  consisted  of  1  runner,  1  fireman,  2 
trackmen  and  1  teamster. 

The  ditches  are  in  a  hay  meadow,  the  soil  being  about  2  ft. 
of  muck  underlain  by  sand.  Uhe  ditches  averaged  5  ft.  deep  with 
1%  to  1  slope,  the  main  ditch,  2.60  miles  in  length,  having  a 
6-ft.  bottom  with  21-ft.  top  and  the  lateral  1.36  miles  in  length, 
having  a  4-ft.  bottom  with  19-ft.  top.  The  total  excavation  com- 
puted for  the  ditch  was  53,019  cu.  yd.  The  soil  caved  very  badly 
and  a  large  amount  of  excess  material  had  to  be  excavated  to  get 
the  specified  prism  clear  of  dirt.  The  amount  of  earth  actually 
moved  was  about  75,000  cu.  yd. 

The  two  ditches  are  not  connected  but  empty  into  Sugar  River 
at  points  about  one-quarter  mile  apart.  This  arrangement  ne- 
cessitated a  tear  down  and  inove  of  about  three  miles  from  the 
end  of  one  ditch,  after  it  was  completed,  to  the  other  ditch,  and  a 
set  up. 

The  costs  given  include  freight  on  machine  from  Madison, 
Wis.,  to'  Sterling,  111.,  the  operation,  moving,  repair,  etc.,  of  the 
machine  during  the  work,  and  the  tearing  down  and  delivery  of 
the  machine  on  board  cars  at  Sterling,  which  is  about  8  miles 
from  the  job.  The  rent  of  2  ct.  a  yd.  included  the  furnishing,  by 
the  owner  of  the  dredge,  of  sheaves  and  cable,  which  was  a  large 
item  as  the  sand  wore  them  out  very  rapidly.  The  cost  of  coal, 
teaming  and  moving  is. rather  large,  because  of  very  bad  roads 
when  the  outfit  was  moved  out  in  the  spring  and  the  deep  sand 
through  which  the  coal  was  hauled  during  the  summer.  The 
unit  prices  are  given  for  the  contract  yardage  and  for  the  actual 
yardage.  "^ 

-  Contract         Actual 
, .  yardage         yardage 

Eent  of  dredge   $0.Q2O  $0,014 

Labor     0.054  0.03S 

Coal      0.009  0.006 

Express  and  freight   0.003  '  0.002 

Bond   and   liability   insuraiicc    0.002  0.002 

Livery  and  carfare   0.002  O.Oni 

Oil 0.001  0.000 

Teaming   and   moving    0.011  S"SS? 

Tools,   supplies,   repairs,   luiiber   0.003  OvOO- 

Miscellaneous 0.001  0-001 

Total  cost  per  cu.  yd $0,106  $0,074 

Electric  Dragline  Excavators  on  Drainage  Work.  Electrical 
World,  Oct.  28,  1916,  gives  data  for  drainage  work  on  the  Boise 
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Project  of  the  U.  S.  Reclamation  Service  in  the  vicinity  of  Cald- 
well and  Nampo,  Idaho. 

Four  excavators  of  the  same  type  and  capacity,  leaving  cater- 
pillar, traction,  gO-ft.  booms,  9. 5 -ft.  swing  circles  and  1.25-cu.  yd. 
buckets  are  used.  They  are  designed  to  operate  on  440-volt, 
three-phase,  60-cycle,  alternating-current  supply,  r  The  caterpillar 
drive  and  the  drag  drums  of  the  excavators  are  driven  by  direct 
geared  80-hp.  motors  controlled  by  a  drum-type  controller  pro- 
vided with  resistance,  switchboard  and  circuit  breakers.  The 
swing  machinery  is  operated  by  a  40-hp.  motor  provided  with  a 
drum-type  contrpller  for  quick  acceleration,  designed  to  make  it 
possible  to  reverse  at. full  speed.  The  operating  crew  consists  of 
two  men  for  each  excavator — the  operator  and  an  oiler. 

The  total  drainage  results  accomplished  on  the  Boise  Project 
with  the  electric  excavators  to  June  1,  1916,  consists  of  the  re- 
moval of  3,762,350  cu.  yd.  of  material  in  approximately  93  miles 
of  open  ditches.  The  ditch  sections  vary  from  10-ft.  base  2  to  1 
slopes,  to  a  5-ft.  base  1.5  to  1  slopes,  and  the  average  cut  ap- 
proximates 10  ft. 

At  the  field  camp  headquarters  a  substation  is  located  which 
transforms  the  current  to  4,000  volts.  The  transmission  lines 
erected  for  the  drainage  construction  carry  4,000  volts  and  are 
built  and  rebuilt  as  needed  in  the  construction  of  the  various 
drains.  In  the  building  of  these  lines,  30-ft.  poles  are  generally 
used  apd  No.  4  bare  copper  conductor.  The  connection  from  the 
transmission  line  to  the  other  transformers  which  are  carried 
on  the.  dredges  consists  of  No.  6  B  &  S  gage  triple  conductor 
armored  cable,  and  connection  ig  made  from  the  three  wires  of 
this  cable  to  the  transmission  lines  by  hook  gwitch  terminals 
fastened  on  the  ends  of  light  25-ft.  poles.  The  connection  is 
transferred  from  pole  to  pole  as  the  construction-  proceeds,  and 
the  300-ft.  length  of  cable  used  allows  the  passing  of  obstruc- 
tions. 

The  average  energy  used  is  approximately  0.88  kw.-hr.  per 
cu.  yd.  of  material  excavated,  varying  with  the  material  exca- 
vated, being  as  low  as  0^39  kw.-hr.  in  light  sandy  loam  including 
all  line  and  transformer  losses. 

Th6  use  of  power  has  been  very  convenient  around  the  head- 
quarters camp,  where  a  machine  shop  is  electrically  operated 
to  handle  repairs  and  also  for  use  in  pumping  water  in  the  con- 
struction of  culverts.  Each  excavator  is  lighted  by  two  incloaed- 
type  flaming  arc  lamps. 

The  approximate  cost  of  excavation  to  date  has  been  as  fol- 
lows: 
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Labor    co§t    ^ i. $0  023' 

Electrical    energy    (at    1    ct.    per    kilowatt-hoiir)    and 

supplies : 0.019 

Installmg  transmission   and  telephone  lines   and   sub-       ," 

stations,  including  cost  of  materials 6.013 

Total  per  cu.  yd $0,055 

This  is  exclusive  of  depreciation  and  general  expenses. 

Drainage  Canals  Built  by  Dredge  and  Dragline.  Engineering 
News,  Feb.  20,  1913,  gives  the  following:  Over-use  of  water 
for  irrigation  having  turned  productive  farms  on  the  Yakima 
Indian  Reservation,  Washington,  into  sWamps  and  barren  alkali 
flats,  a  drainage  system  was  constructed  by  day  labor  by  the 
U.  S.  Indian  Sefvice. 

The  following  are  the  detailed  costs  and  construction  data  of 
the  three  machines  used: 

Marion  Dredge — 1-yd.  dipper  dredge,  40-ft.  boom.  Limit  of 
dump  above  water  15  to  18  ft.  Limit  of  digging  below  water, 
12  ft.  Center  of  hull  to  center  of  dump,  35  to  40  ft.  Size  of 
hull,  60  X  18  X  51/2  ft.  About  24,000  ft.  B.  M.  lumber  required  in 
construction  of  Ji'ull. 

Cost  of  machinery  f.o.b.  Marion,  Ohio,  $5,000.  Cost  complete 
with  hull  in  working,  order  about  8  miles  haul  from  the  railroad 
(exclusive  of  freight  charges  on  machinery  from  Marion,  Ohio,  to 
Toppenish,  Wash.),  $10,034. 

Started  to  excavate,  Nov.  17,  1910,  and  worked  steadily  till 
Mar.  13,  1912,  usually  excavating  in  soft  material  with  gravel 
subsoil  and  occasional  streaks  of  hardpaji,     Results  ( 

Total  cu.  yd.  excavated  502,911 

Total  in.  ft.  of  canal 57,944 

Total  8-Iir.  shifts  operating 823 

Cost  per  cu.  yd. : 

Field  supervision,  including  clerical   $0,005 

Labor    operation 0.037 

Hardware,    tools,   etc , ,0.0p2 

Bepairs,    shopwork,    etc.    : .- 0.004 

Gamp    maintenance    0  00? 

Coal,   $4.85  per  ton  delivered : 0.016 

Cable 0.005 

Oil,  waste  and  carbide  for  lights 0.003 

Total  per  cu.  yd $0,074 

No  depreciation  charges  have  been  added,  but  it  is  believed  that 
from  1  to  l%c.  per  cu.  yd.  would  cover  this  item. 

Dragline — This  machine  was  constructed  by  the  Washington 
Iron  Works,  of  Seattle,  Wash.  It  had  a  50-ft.  boom,  with  1  yd. 
Channon  bucket,  operated  by 'a  7  x  lOi/^-in.  double  engine.  The 
machine  was  mounted  on  skids  and  hauled  back  by  an  independent 


954  HANDBOOK  Olv  EARTH  EXCAVATION 

engine  mounted  on  the  rear.     It  was  started  in  S.eptember,  1910, 
and  finished  on  expiration  of  lease,  Apr.  15,  1912. 

The  material  excavated  comprised  volcanic  ash  with  occasional 
streaks  of  hardpan  that  required  blasting,  underlaid  y^ith  loose 
gravel. 

Total  cu.  yd.  excavated  539,235 

Total  lin.  ft.  of  canal    68,590 

Total  8-hr.   shifts  operating    SV! 

Field  supervision,   including  clerical   $0,006 

Labor  operation,  including  $225  rent  per  mo 0.060 

Hardware;   tools,   etc 0.003 

Bepairs  and  shopwork  0.011 

Camp    maintenance O.003 

Coal,  cable,  oil,  waste,  carbide  for  lights,  etc 0.026 

Total  per  cu.  yd.  ..•." '■ $0,109 

Due  to  the  layout  of  the  canals,  this  machine  moved  empty 
about  214  miles,  which  e.xpense  is  included  in  the  above  costs. 

Lidgerwood  Class  B.  Dragline  Excavator — ^This  machine  com- 
plete for  operation  on  the  ground  about  two  miles  haul  from 
railroad,  exclusive  of  railroad  transportation  from  Chicago,  cost 
$11,555. 

The  material  excavated  comprised  volcanic  ash  soil  with  oc- 
casional streaks  of  hardpan,  underlain  with  loo^e  gravel.  The 
machine  started  to  operate  Oct.  Ij  1910,  and  the  data  are  given 
to  June  20,  1912. 

Total  cu.  yd.   excavated    789,968 

Total  lin.  ft.  of  canal  92,305 

Total  8-hr.  shifts  operated 1,024 

Field  supervision  and  clerical  ._  $0,005 

Labor    operation    0.035 

Hardware,  tools,  etc 0.004 

Repairs   and   shopwork 0.013 

Camp    maintenance    1.' 0.002 

Coal,  cable,  oil  waste,  carbide  for  lights,  etc 0.023 

Total  per  cu.   yd ".... $0,082 

No  depreciation  has  been  charged  in  the  above,  but  it  is  be- 
lieved that  about  1^  ct.  per  cu.  yd.  should  cover  this  item. 

This  machine  moved  empty,  a  total  distance  of  about  18  miles, 
which  expense  is  included  in  the  above  costs. 

It  may  be  of  interest  to  note  that  the  total  amount  disbursed, 
including  engineering,  structures,  clearing,  fence  moving  and  in- 
ventory, which  covers  all  depreciation,  added'  to  the  excavation, 
shows  a  cost  of  about  12  ct.  per  cu.  yd.  when  applied  wholly  to 
to  the  excavation. 

Floating  Dredges  for  Ditching.  The  methods  and  costs  of 
floating  dredge  operation  will  not  be  treated  at  length  here  as 
a  full  discussion  of  this  subject  is  given  in  Chapter  XV.    There 


DITCHES  AND  CANALS  •  955 

are  a  number  of  companies  manufacturing  dredges  especially  for 
ditcli  work.-  Almost  all  dredges  used  for  this  type  of  construc- 
tion are  either  grab-bucket  or  dipper  dredges,  the  latter  being 
generally  used. 

While  dipper  dredges  do  not  make  as  neat  a  ditch  or  one  to  as 
exact  grades  and  slopes  as  many  of  the  other  types  of  machines, 
they  have  gained  favor  because  they  can   be  worked  under  all , 
kinds  of  adverse  conditions  and  in  any  sort  of  material,  not  ex- 
cepting blasted  rock.  i 

In  many  sections  of  the  country  stumps  and  roots,  as  well  as 
buried  logs,  impede  the  work  of  the  machines.'  Any  contractor 
who  has  worked  through  such  ground  knows  what  difficulties  he 
has  had  to  overcome.  Sunken  logs  are  a  prolific  source  of 
trouble,  especially  when  they  are  of  any  length,  and  more  than 
half  of  the  log  protrudes  under  the  banks  of  the  ditch.  A  dipper 
dredge  has  been  the  only  successful  machine  for  such  work. 

A  finished,  well-sloped  ditch,  with  a  true  grade  and  solid  bot- 
tom without  holes  in  it,  arid  spoil  banks  in  good  shape  with  a 
sufficient  berm  between  them  and  the  ditch  to  prevent  the  ma- 
terial from  sloughing  back  into  it,  is  much  to  be  desired,  to  secure 
cheapness  of  maintenance  and  to  make  the  ditch  do  efficiently  the 
work  for  which  it  is  designed. 

A  very  important  feature  of  dredges  is  the  spuds.  A  dredge 
is,  as  a  rule,  either  equipped  with  vertical  or  bank  spuds,  or  both. 
These  are  necessary  to  balance  the  boat  and  hold  it  to  its  work, 
especially  in  digging  hard  materials  or  in  handling  large  logs 
or  stumps.  They  also  prevent  the  boat  from  being  wrecked  or 
sunk.  They  must  be  adjustable  in  case  of  sudden  high  water 
and  also  for  receding  water.  If  they  cannot  be  adjusted  in  a 
reasonable  length  of  time,  delays  occur  that  are  expensive.  Spe- 
cial attention  should  always  be  paid  to  the  spuds  both  in  pur- 
chasing a  dredge  and  in  operating  it. 

Clam-shell  or  orange-peel  bucket  dredges  are  used  to  a  large 
extent  in  ditch  construction.  In  both  styles  of  these  buckets  dif- 
ferent types  are  made  for  soft  and  hard  digging.  In  both  the 
clam-shell  and  orange-peel  buckets,  makers  build  a  type  to  grapple 
boulders  and  stumps. 

Ladder  Dredge  TTsed  in  Excavating  a  Small  Canal.  A.  M. 
Shaw,  in  Engineering  Neii>s,  Aug.  14,  1913,  gives  a  description 
of  machines  used  in  excavating  ditches  and  small  canals  in 
Louisiana,  and  states  that  ladder  dredges  of  the  Menge  type  have 
been  used  on  work  of  this  kind.  The  manufacturers  of  this  dredge 
state  that  in  open  swampy  prairie  land  a  ladder  dredge  can  do 
twice  as  much  work  as  where  the  soil  contains  much  day,  as 
the  day  sticks  to  the  bucket  and  will  not  dump.     Where  stumps 
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or    cypress    roots  'exist   in    considerable   numbers   trouble   is   ex- 
perienced.    , 

jA  dredge  :used  near  New  Orleans,  with  a  hull  22  by  60  ft.  and 
the  ladder  swinging  to  either  side,  cut  a  canal  35  ft.  wide.  The 
distance  from  center  line  of  the  boat  to  end  of  the  discharge 
?ipron  was  40  ft.,  and  the  velocity  of  discharge  was  usually  great 
enough  to  cast  the  material  about  10  ft.  further.  The  ladder  had 
32  buckets  of  about  6  cu.  ft.  capacity  each.  The  boiler  was  50 
hp.  and  the  engine  had  two  -llxl6-in.  cylinders.  The  cost  of 
the  dredge  was  about  $10,000. 

The  average  monthly  output  of  the  machine  was  24,000  cu.  yd. 
The  coal  consumption  was  1.5  to  2  tons  per  shift  of  10  hr.  The 
cost  of  operating  the  machine  on  a  single  shift  was  about  $650  a 
month,  giving  an  operating  cost  of  about  2.8  ct.  per  cu.  yd. 

Cutting  1  to  1  Slopes  With  a  Dipper  Dredge.  Engineering 
News,  Oct.  19.  1916,  gives  an  account  of  drainage  work  on  the 
Little  River  Drainage  District  in  Missouri.  The  ditch  system 
involves  625  miles  of  dredged  channels  containing  34,250,000  cu. 
yd.  of  excavation.  The  ditches  range  in  size  from  4  ft.  bottom 
width  and  8  ft.  depth,  to  123  ft.  bottom  width  and  12  ft.  depth. 

All  work  is  done  by  floating  dipper  dredges,  with  bank  spuds 
for  the  smaller,  and  bank  or  bottom  spuds  for  the  larger  ma- 
chines. The  laterals' are  cut  mainly  by  dredges  with  l-yd.  buckets. 
For  the  main  ditches  a  l-yd.  dredge  makes  two  pilot  cuts  6  ft. 
deep,  one  on  each  side.  These  are  about  22  ft.  wide  on  top  and 
12  ft.  on  the  bottom,  with  the  1  to  1  slope  on  the  outer  side.  A 
larger  dredge  first  extends  each  pilot  cut  to  the  full  depth,  and 
then  takes  out  the  center.  In  this  way  five  cuts  are  made  for 
the  complete  section.  On  the  ditch  with  123  ft.  bottom  width  a 
dredge  with  a  4-yd.  dipper  has  made  a  record  of  83,278  cu.  yd. 
in  26  working  days. 

Tlie  contract  states  that  the  completion  of  the  work  within  the 
time  is  of  special  importance.  With  this  in  view  it  is  specified 
that  any  contractor;  before  beginning  the  erection  of  a  dredge, 
must  obtain  the  engineer's  approval  of  its  size  and  capacity. 
This  is  required  in  order  to  prevent  the  use  of  dredges  of  insuffi- 
cient capacity  to  make  the  desired  progress. 

The  specifications  provide  that  the  work  is  to  be  staked  out  in 
advance  by  the  engineer,  to  show  the  exact  location  and  width  of 
right  of  way,  the  ditch,  the  berm,  and  the  levees.  The  depth 
of  cut  ior  a  ditch  and  the  height  of  fill  for  a  levee  are  to  be 
marked  on  the  stakes. 

The  cutting  of  small  ditches  to  greater  widths  than  those  speci- 
fied (in  order  to  admit  floating  dredges)  may  be  done  under  cer- 
tain conditions.     The  specifications  provide  that  when  the  prism 
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18  not,  of  sufficient  width  to  accommodate  the  dredge  installed,  the 
necessary  width  shall  be  obtained  when  possible  ■  by  flattening 
the  side  slopes.  Increasing  the  prism  of  ditches  is  permitted, 
subject  to  the  approval  of  the  engineer,  but  the  increased  prism 
must  conform  to  the  specified  section  (except  in  area),  and 
payment  is  made  only  for  material  within  this  section. 

In  moving  dredges  from  one  piece  of  work  to  another  it  may 
be  necessary  for  one  contractor  to  pass  over  work  which  has 
been  let'  to  another  contractor  but  has  not  been  constructed.  In 
such  cases  the  former  makes  a  cut  sufficient  for  the  passage  of 
his  drefdge  and  is  paid  for  this  on  the  basis  of  volume  actually 
removpc^  at  a  price  Vi-ct.  per  cu.  yd.  below  that  of  the  contract 
price, of  the  other  contractor.  The  Va-ct.  deduction  is  paid  as 
compensation  to  the  latter. 

Dredgitig  Ditches  with  I  to  I  Slopes.  A  specially  interesting 
feature  of  the  work  is  that  by  the  specifications  the  dredges  are 
required  to  finish  the  cuts  with  1  to  1  slopes.  On  ditches  of 
this  kind-  the  usual  practice  is  to  excavate  them  to  practically  a 
U-shape,  and  let  the  sides  cave  in.  This  results  in  rough  cuts 
and  ob^tructedybottom. 

Some  trouble  was  experienced  at  first  in  getting  the  dredge  men 
to  do  the  work  as  required,  but  after  a  little  explanation  and  re- 
quiring them  to.  go -tack  and  dress  thfe  work  not  properly  finished, 
they  soon  came  to  understand  how  to  get  the  desired  cesults. 
This  is  aceoniplished  by  taking  a  succession  of  light  cuts  on  each 
side  in  such  a  way  as  to  approximate  the  1  to  1  slope,  and  then 
to  excavate  the  center  or  core.j .     , 

The  diagram  issued  for  instruction  as  to  this  slope  cutting  is 
shown  in  Fig.  21.;  The  prism  is  cut  by  digging  the  corners 'first 
and'  workinig  to  the  center.  It  is  especially  insisted  that  light  cuts 
must  be  taken  in  digging  the  corners,  as  indicated  on  the  cross- 
section.  The  roll  from  the  berm  is  cleaned  on  completion  of  the 
fifth  round.-  < 

Gross-8ectionfl,ng'  and  Progress  Records.^  The  cross-sectioning  of 
the  ditches  is  done  by  sounding,  taking  iaeasurements  at  the  top, 
middle  and  bottom  of  each  slope,  and  at  5'ft.  intervals  on  the 
bottom  for  large  ditches  and  3-  ft.  for  th^  small  laterals.  In- 
stead of  entering  ^le  figvffes'  in  a  book  to  be-  plotted  later,  the 
diagrams  are  plotted  directly  upon  sheets  of  thin  section  paper, 
17xlO-in.,  clamped  to  a  stiff  board,  the  vertical  and  horizontal 
scales  being  1  in  to  10  ft.  .This  eliminates  much  of  the  ofllce 
work,  and  blueprints  from  the  diagrams  are  very  useful  and 
effective  in  showing  the  contractors  just  what  results  they  are 
getting  and  how  these  may  be  improved. 

Typical   diagrams  from  these  plotted   cross-section   sheets   are 
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Fig.  21.    Diagram  Showing  How  to  Dredge  Ditches  With  1  to  1 

Slopes. 
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shown  in  Fig.  22,  for  both  the  large  and  small  canals.  These 
indicate  the  character  of  the  actual  excavation  and  the  closeness 
with  which  the  channel's  can  be  excavated  to  the  theoretical  sec- 
tion. In  the  smaller  ditches  the  bottom  is  invariably  concave 
instead  of  flat,  but  soon  fills  up  practically  to  the  grade  line. 

Dredging  Canals  on  a  Drainage  Project  in  louisiana.  En- 
gineering and  Contracting,  Oct.  25,  1911,  gives  the  following: 
The  project  here  described  is  one  of  a  great  number  now  imder 


•  Designed  Sections 


Actml  Sections 


Fig. 


60'    50'     W    30'    to'     JO'     ff      io'     is    30'    40'     50'    60' 
Sections  of  Ditch  No.1 :  llO-l-'t  Base 

22.     Typical    Ditch    Cross-Sections    Obtained    With    Dipper 
Dredges. 


way  in  the  section  near  New  Orleans.  The  two  classes  of  land 
which  are  being  reclaimed  are  the  Cut-over  timber  lands  and  the 
untimbered  swamp  lands.  The  timber  lands  cost  considerably 
more  to  put  into  condition  than  do  the  swamp  lands,  because  the 
heavy  roots  make  the  use  of  dredges  impracticable. 

The  method  of  drainage  is  as  follows:  The  2,850-acre  tract  is 
enclosed  with  a  canal  known  as  a  dredge  boat  canal,  the  earth 
being  thrown  on  the  outer  bank  to  form  a  levee  which  is  smoothed 
down  to  niake  a  road  or  driveway.     When  this  canal  and  levee 
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are  completed  two  other  large  canals  are  dug  at  right  angles  to 
each  other  crossing' the  tract  in  each ,  direction.  See  Fig.  23. 
These  are  for  use  for  storage,  to  provide  a  large  surface  for 
evaporation,  and  essentially  for  the  small  lateral  ditches  to  drain 
into.  These  lateral  ditches  are  usually  pUded  aboiit  200  tt. 
apart.  They  are  3%  ft.  deep,  4  ft.  wide  on  top  and"  18  in.  wide 
at  the  bottom.  They  aire  being  dug  by"  means  of  Hill  ditching 
machines.  /The  water  is  disposed  of  by  a  pumping  plant  designed 
to  care  for  the  maximum  amount  of  rainfall,  and  stationed  at  the 
most  convenient  point  for  discharging  water  over  the  levee.  The 
land  in  this  district  is  composed^  of  the  material  known  as 
"  sharkey  clay,"  which  is  tlje  sediment  tarried  by  the  Mississippi 
River  from  the  soils  of  the  states  through  which  it  flows.  This 
has  been  deposited  here  and  gradually  covered  with  a  top  soil 
composed  of  decayed  vegetable  matter.  The  soil  is  very  rich 
and  is  not  difficult  \to  handle.  The  cost  of  reclaiming  these  tracts 
as  based  on  the  contract  price  of  a  number  of  3,000-acre  units  is 
estimated  by  the  engineers  to  be  about  as  follows :  For  building 
levee  and  outside  canal  all  round  the  tract,  $8  per  acre;  for 
reservoir  canals  of  sufiScient  capacity  to  care  for  runoff  from 
maximum  rainfall,  $7  per  acre;  for  lateral  ditches,  $2  per  acre; 
for  pumping  plant,  $2.75  per  acre;  for  engineering  and  superin- 
tendence, $2.25  per  acre;  for  incidental  expenses,  $2  per  acre, 
making  a  total  of  $24  per  acre. 

The  main  drainage  canal  has  a  section  40  ft.  wide  on  top  and 
is  8  ft.  deep.  The  main-  laterals  are  18  ft.  wide  and  71^  ft;  deep 
and  the  ditches  are  4  ft.  wide  and  3%  ft.  deep. '  All  are  made 
with  banks  at  a  natural  slope.  The  general  elevation  of  the 
ground  is  about  5  ft.  above  sea  level.  A  pumping  plant  is  under 
constru(;tion  near  the  southeast  corner  of  the  tract., 

The  excavation  of  the  m?iih  canals  was  begun  in  the  latter  part 
of  1909  and  was  prosecuted  almost  continuously  until  the  com- 
pletion in  August,  1911.  This  work  was  carried  on  by  means  of 
two  Marion  dipper  dredges,  one  with  a  %-cu.  yd.  and  the  other 
with  a,  IV^-cu.  yd.  bucket.  The  large  dredge  was  on  the  ground 
when  the  work  was  begun  and  the  small  one  was  built,  afterward 
at  a  coat  of  about  $8,500.  Two  oil  barges  of  about  400  bbls.  ca- 
pacity each  were  built  to  carry  fuel  oil  for  the  dredges  from.  New 
Orleans.  AH  supplies  had  to  be  brought  in  on  barges.  One 
25-hp.  gasoline  tug  was  used  for  all  towing. 

The, cost  figures  were  taken  from  the  company's  books,  with  the 
exception  of  the  charge  for  plant.  This  is  an  arbitrary  figure 
based  on  an  estimate  of  25%  depreciation  of  the  plant  for  the 
two  years'  work.     The  small  dredge  was  new  and  was  built  on  the 
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Bite.  The  other  dredge  was  used  on  previous  work  in  the  vicinity. 
The  plant  is  taken  as  worth  $20,500  at  the  beginning  of  work. 
The  labor  charge  is  taken  from  the  payroll  account, and  includes 


BlocK  Prince  Bayou  '      ZngKonig 

Pig.  23.     Plan  of  Drainage  Canals  and  Laterals  for  Reclaiming 
Louisiana  Swamp  Land.  > 

all  labor  charged  to  the  contract,  such  as  dredgemen,  camp  labor,- 
clearing,  towing,  superintendence,  etc.  The  supplies  include  all 
supplies  except  camp  supplies.  The  repair  accbunt  includes  all 
repair  parts  and  freight  on  same,  but  does  not  include  the  labor 
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for  making  repairs.  The  general  expense  account  includes  all 
expense  not  included  in  other  accounts,  such  as  ta;xes,  on  plant, 
traveling  expenses,  railway  fares  of  men,  office  expenses,  etc.  No 
interest  is  included.  The  fuel  account  includes  only  the  oil  used 
for  the  operation  of  the  dredges.  .The  rates  of  wages  paid  were 
for  common  labor  $2  per  day,  engineman  $125  per  month,  crane- 
man  $65,  fireman  $50. 

The  rates  of  the  monthly  men  include  board  in  addition.  The 
costs  follow: 

Plant    (arbitrary)    0.8 

General    0.6 

Repairs    ■ 0.2 

Supplies  ' 1-4 

Fuel     ....,...• 0.9 

Labor    2.2 

Camp 0.8 

Total  ct.  per  cu.  yd 6.9 

These  costs  are  for  the  excavation  of  the  main  canals  only,  total- 
ing 675,000  cu.  yd.  The  work  of  excavating  the  small  ditches  and 
the  construction  of  the  pumping  plant  are  at  present  under  way. 

Ditch  Excavation  by  Natural  Erosion.  It  is  a  waste  of  effort 
to  cut  some  ditches  to  finished  lines  and  to  slope  their  sides. 
This  is  particularly  so  of  ditches  cut  for  stream  diversions  in 
connection  with  the  building  of  railroads,  especially  i  in  iinde- 
veloped  sections  of  the  country.  Many  engineers  lay  out  a  ditch 
of  relatively  the  same  sii:e  as  the  oM  channel  of  the  stream, 
sloping  and  dressing  up  the  sides  of  the-  ditch  and  giving  it  a 
fair  gradient.  This  is  usually  a  waste  of  money.  If  a  stream 
has  a  channel  varying  from  6  to  8  ft.  wide  a  ditch  can  be  dug 
about  3  ft.  wide,  say  wide  ejnough  to  admit  of  excavating  it  with 
a  drag  scraper,  and  its  sides  left  vertical.  The  grade  given  to  it 
need  be  very  slight.  Then  it  the  old  channel  is  well  drained,  the 
water  will  be  diverted  into  the  new  ditch,  and  the  first  heavy  rain 
will  excavate  the  ditch  to  its  proper  size  and  grade  and  the 
action  of  the  water  and  frost  will  slope  its  banks. 

In  diverting  a  stream  in  Arizona  that  had  a  bed  varying  from 
25  to  30  ft.  in  width,  a  ditch  was  laid  off  just  wide  enough  to 
take  a  Fresno  scraper,  namely,  from  4  to  5  ft.  wide.  The  exca- 
vation was  done  with  these  scrapers  at  a  low  cost,  the  banks  being 
left  vertical.  The  grade  was  such  that  the  water  dammed  up 
quite  a  little  before  it  ran  through  the  new  ditch,  but  the  first 
rains  washed  out  a  new  channel  about  as  wide  and  deep  as  the 
old  one.  However,  this  plan  can  not  always  be  followed  when 
the  country  is  well  settled  and  the  land  is  valuable,  for  then  it 
may  be  necessary  to  keep  the  stream  under  control. 
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Ditch  and  Canal  Excavation  by  Sluicing.  Canals  and  ditches 
may  be  excavated  very  cheaply  by  first  digging  a  narrow,  shallow 
passage-way  for  the  stream,  and  allowing  the  water  to  bring  the 
ditch  to  its  full  width  and  depth  by'  erosion  of  the  banks  and 
bottom.  Very  large  waterways  _may  be  excavated  in  this  man- 
ner. The  chief  disadvantage  of  this  method  lies  in  the  difficulty 
of  controlling  the  course  of  the  stream.  Water  naturally  washes 
away  the  softest  materials,  and  the  course  of  a  ditch  dug  by  this 
method  will  probably  be  very  crooked.  The  direction  may  be 
conti-oUed  in  some  measure  by  plowing  and  loosening  the  earth 
as  the  water  attacks  it,  as  was  done  in  the  eases  hereafter '  de- 
scribed. 'Ihis  method  is  then  very  low  in  construction  cost  but 
wasteful  of  land,  and  should  therefore  be  pursued  only  where 
the  value  of  land  is  low. 

Prof.  B.  M.  Hall,  in  the  Engineering  Annual,  University  of 
Georgia,  Vol.  I,  ISQS,'-  gives  some  data  on  sluicing  methods  used 
in  swamp  reclamation  in  Charlton  county,  Georgia.  This  swamp 
was  a  shallow,  fresh-water  lake,  covering  400,000  acres,  and  filled 
with  black  muck.  To  drain  it  a  narrow,  shallow  canal  was  cut 
through  a  ridge  intervening  between  it  and  the  river,  at  an 
elevation  20  to  25  ft.  above  the  proposed  bottom  of  the  per- 
manent canal.  This  shallow  canal  was  constructed  by  teams 
and  scrapers.  It  was  17  ft.  deep  at  the  summit  of  the  cut.  To 
widen  and  deepen  it  a  stream  of  water  was  pumped  iiom.  the 
swamp,  and  a  "porcupine"  harrow  (a  round  log  filled  with 
harrow  teeth)  was  dragged  up  and  down  the  canal  a  distance  of 
1,000' ft.  at  a  time  by  steam  power.  The  pumping  plant  con- 
sisted of  two  80-hp.  boil'ers  and  two  14-in.  centrifugal  pumps, 
lifting  30,000  gal.  per  min.  The  cost  of  excavation  was  oiily  2.5 
ct.  per  cu.  yd. 

The  method  used  for  draining  the  Okefinokee  Swamp  was  also 
successfully  pursued  in  excavating  a  canal  near  Laramie,  Wyo. 
The  methods  and  cost  of  the  work  are  given  by  Lyman  E.  Bishop 
in  Engineering  'News,  Sept.  9,'1911,  as  follows: 

The  work  was  the  construction  of  part  of  an  8-mile  canal 
joining  the  Big  Laramie  River  to  Lake  Hattie,  a  part  of  the 
Laramie  Water  Co.'s  irrigation  project.  The  first  7  miles  of  the 
canal  were  built  with  dragline  excavators  during  1910.  The 
grade  of  the  canal  was  0.02%,  the  bottom  width  was  40  ft.,  and 
the  depth  of  water,  8  ft.  Between  the  end  of  the  excavated  por- 
tion of  the  canal  and  Lake  Hattie,  a  distance  of  6,000  ft.,  there 
was  a  drop  of  70  ft.  The  plan  of  excavating  this  section  by 
sluicing  was  feasible,  there  being  a  grade  of  1.15%  and  1,000  cu. 
ft.  of  water  per  sec.  available.  Practically  all  of  the  material 
was  disintegrated  feldspathic  red  granite,  the  coarsest  particles 
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of  whicH  were  of  fine  uneemented  gravel,  the  laiTgest  sizes  passing 
througli  a  1-in.  ring.  Some  large  boulders  were  present.  After 
the  channel  had  been  washed  out  to  a  depth,  of  25  ft.  a  shale 
stratum  was  uncovered.  This  rock  and  the  large  boulders  that 
were  washed  from  the  fine  material  and  practically  covered  the 
bottom  of  the  ditch,  prevented  further  erosion.  It  should  be 
noted  that  there  was  a  large  unavailable  capacity  in  Lake  Hattie 
below  the  outlet  culverts,  and  this  space  could  contain  the  ma- 
terial sluiced  from  the  canal.  The  section  shown  in  Fig.  24  was 
excavated  by,  teams  under  a  contract.  This  small  ditch  con- 
tained 7,100  cu.  yd.  It  was  completed  in  17  days.  The  cost 
was  20  ot.  per  cu.  yd. 

To  assist  the  water  in  its  erosive  action  in  cutting  away  the 
upper  bank  the  following  added  provisions  were  taken:  A  steel 
blade  18  in.  long,  6  in.  wide  and  sharpened  on  one  edge,  was 
securely  attached  horizontally  to  the  beam  end  of  a  No.  5  railroad 
plow.  With  the  plow  in  the  lower  corner  of  the  bottom  of  the 
ditch  this  blade  extended  about  9  in.  into  the  side  of  the  ditch. 
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Fig.  24.     Section  of  Canal. 

as  shown  by  the  dotted  line  at  A.  A  light  furro;w  was  plowed 
throughout  the  entire  length  of  the  finished  ditch  at  the  point 
S,  and  at  the  same  time  a  9-in.  cut  was  made  in,  the  side,  as 
shown  at  A.  It  is  believed  that  the  sloping  bottom  of  the  ditch 
and  the  cut  in  the  upper  side  were  very  valuable  factors  in  the 
final  success  of  the  sluicing  method.  At  the  time  tlie  first  water 
was  turned  in  the  ditch  its  tendency  was  to  hug  the  upper  bank 
and  undermine  it,  the  upper  bank  caving  off  from  above,  while 
very  little  erosion  took  place  on  the  lower  side.  Practically  all 
the  erosion  has  been  on  the  bottom  and  upper  side. 

About  200  second-ft.  of  water  were  turned  into  the  ditch  the 
first  day,  and  approximately  100  second-ft.  additional  each  suc- 
ceeding day.  At  the  end  of  9  days  the  channel  at  the  lake  end 
vyas  40.  ft.  -wide,  by  25  ft.  deep,  and  at  the  upper  end  it  was 
30  ft.  wide  by  8  ft.  deep.  Some  sluicing  took  place  in  the  pre- 
viously finished  section  of  the  canal,  the  washing  extending  back 
a  distance  of  800  ft.,  with  a  maximum  depth  of  8  ft.  at  the  sluice 
ditch  end.  The  total  yardage  washed  out  in  9  days  was  85,000 
cu.  yd.     Assuming  that  an  average  of  600  second-ft.  ran  through 
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the  sluice  ditch  during  that  period,  then  200  cu.  yd.  of  water 
wore  required  to  excavate  1  cu.  yd.  of  earth. 

The  coat  of  the  sluicing  was  practically  nothing.  If  we  di- 
vide the  contract  cost  of  the  work  done  with  teams  $1,420  by  the 
total  yardage  moved  (92,100  cu.  yd.)  we  have  a  cost  of  the 
sluiced  canal  of  approximately  1.5  ct.  per  cij.  yd. 

Railroad  Ditches.  Ditches  in  long  and  deep  railroad  cuts  are 
not  vonly  expensive  to  make,  but  also  to  maintain.  The  long 
haul  of  the  material  makes  the  building  expensive,  especially 
with  team,  when  the  ditches  are  excavated  before  the  track  is  laid. 
The  work  is  generally  done  with  teams  and  scrapers.  After  the 
track  is  laid  it  is  very  difficult  to  use  scrapers  in  cleaning  the 
ditches.  For  this  reason  thofc  have  been  various  devices  invented 
for  cleaning  and  maintaining  ditches  through  railroad  cuts.  One 
is  a  scraper  used  with  a  locomotive  or- car,  the  plan  being  either 
to  drag  the  material  into  piles,  to  be  afterwards  loaded  on  to 
cars,  or  else  drag  it  to  the  end  of  the  cuts.  Another  device  is 
a  wing  scraper  fixed  to  a -car,  operated  like  a  road  machine.  Al- 
though these  cheapen  and  hasten  the  work,  yet,  as  they  do  not 
load  the  material,  they  have  not  been  an  unqualified  success. 

Railway  Ditchers.  A  number  of  engineers  of  maintenance  have 
invented  scraper  or  dipper  machines  that  they  have  had  built 
in  the  shops  of  the  railroad  company  for  this  class  of  ditch 
work,  and  very  efficient  work  has  been  done  by  such  devices. 
To-day  there  are  several  such  machines  made  by  the  manufac- 
turers of  excavating  apparatus. 

The  Browning  Engineering  Company  of  Cleveland,  Ohio,  makes 
a  light  locomotive  crane  mounted  on  a  low  set  of  wheels  for 
this  purpose,  and  the  Marion  Steam  Shovel  Co.,  of  Marion,  Ohio, 
mount  one  of  their  light  shovels  in  the  same  manner. 

A  train  of  flat  cars  is  used  for  the  work.  Two  sections  of  light 
rails,  from  20  to  35  ft.  long  are  laid  down  on  the  cars  and  the 
locomotive  crane  equipped  with  a  dipper,  or  a  small  steam 
shovel  is  placed  on  this  track.  The  dipper  is  used  to  excavate 
the  material  from  the  ditch,  loading  it  directly  on  the  flat  cars. 
As  the  cars  are  loaded  the  machine  travels  along  on  the  track 
on  top  of  the  cars.  The  section  of  track  is  picked  up  by  the 
machine  and  carried  from  the  rear  to  the  front.  The  machine 
works  on  both  sides  of  the  track  on  a  single  track  road.  Where 
there  is  more  than  one  track,'  the  train  first  works  on  one  side 
of  the  cut  and  then  goes  to  jthe  other. 

Either  light  or  heavy  work  can  be  done  in  this  manner  eco- 
nomically, and  a  long  stretch  of  ditch  can  be  made  or  cleaned 
out  in  a  day.  In  heayy  work  the  excavator  is  moved  as  the  cars 
are  loaded,  while  in  light  work  the  whole  train  is  moved  by  the 
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locomotive.  In  this  manner  a  full  load  can  always  be  placed  on 
the  cars.  After  the  train  is  loaded  it  is  taken  to  some  embank- 
ment and  the  material  used  to  widen  or  place  a  shoulder  on 
the  fill,  or  else  it  is  dumped  through  some  trestle  that  is  being 
filled.  This  is  also  one  of  the  economic  features  of  cleaning 
railroad  ditches  out  by  this  method. 

Another  consideration"  is  that  a  larger  ditch  is  dug  by  these 
machines,  so  it  is  not  necessary  to  clean  the  ditch  frequently. 
Then,  too,  since  the  material  is  carried  out  of  the  "cut  it  does 
not^wash  back  during  rainstorms  as  is  the  case  when  the  ditches 
are  cleaned  out  by  hand  and  the  earth  is  thrown  on  the  side 
of  the  ditch.  These  revolving  shovel  ditchers  can  also  be  used 
to  pick  up  slides  that  result  from  heavy  rains  and  the  action  of 
the  frost. 

The  American  railway  ditcher  (Fig.  25)  is  a  small  revolving 
shovel  primarily  designed  for  digging  railroad  ditches.  It  may 
also  be  equipped  as  a  locomotive  crane  with  orange-peel  or  clam- 
shell bucket,  with  pile  driving  leads,  with  a  car  unloading  device, 
or  it  may  be  fitted  with  a  derrick  boom  for  loading  logs  or  for 
laying  track.  It  has  four  center-ftanged  wheels  for  use  on  port- 
able track  sections  of  two  widths,  thus  eliminating  the  necessity 
of  having  bolted  rails  for  it  to  travel  upon.  It  is  also  equipped 
with  four  standard  gage  wheels.  The  tirack  furnished  with  the 
machine  is  made  up  of  two  portable  track  sections,  enabling  the 
machine  to  travel  over  flat  cars  of  unequal  height.  The  engine 
has  three  drums:  One  for  the i  hoisting  line,  one  for  the  pull-in- 
line, and  one  for  the  line  that  controls  the  height  and  radius  of 
the  boom.  The  depth  of  cut  is  regulated  by  raising-  or  lowering 
this  boom.  An  unique  device  furnished  with  this  machine  is  the 
plunger  at  the  end  of  the  boom.  This  plunger  enters  the  bucket 
when  the  latter  is  about  to  dump,  and  acts  as  a  ram,  forcing  out 
sticky  material.  The  machine  has  a  full  circle  swing.  When 
mounted  on  a  car  it  is  within  the  clearance  limits  of  railroad 
structures. 

The  pre-war  prices  of  the  machine  (including  services  of 
erector)  were  as  follows: 

Complete   ditcher    ., $5,950 

Extra  for  clam  shell  bucket  attachment  100 

TSxtra  for  scraper  bucket  attachment  (29.5-ft.  radius).. 

Extra  for  car  unloading  attachment  (pusher  scoop)'. . .  385 

Extra  for  30-ft.  pile  driver  leads  and  1,500-lb.  hammer  425 

Extra  for  40-ft.  leads    100 

Extra  tor  2,000-lb.  hammer  25 

Cost  of  Operation  of  American  Ditcher.  The  cost  of  hand 
ditching  on  the  C.  E.  I.  &  P.  Ry.  in  Nebraska  was  as  follows: 
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67  laborers    @   ?1.35    $90.45 

1  foreman     ,, 2.75 

1  timekeeper    2,50 

Total  for  144  cu.  yd.  of  ditch  ?95.70 

Cost  per  cu.  yd 0.665 

The  cost  of  ditching  with  the  machine  was  as  follows: 

1  engineman   $  4.00 

1  fireman 2.00 

2  section  men   @   $1.50   3,00 

1  ton  of  coal 2.00 

Oil,   waste,   repairs   0.50 

Depreciation   and   interest   at   18%   on   $6,000   over   150 

days  per  year, 3.00 

Total  for  264  cu.  yd .- $14.50 

Cost  per  cu.  yd 0.06 

This  does  not  include  train  service. 

The  cost  of  operating  a  ditcher  on  the  Illinois  Central  System 
during  December,  1906,  is  given  below.  The  machine  handled  wet 
cla;y,  sand  and  gumbo  at  the  rate  of  15  cars  of  21  yards  each 
(loose?)    in  4  hr.  15  min. 

Ditcher  crew    Train  crew. 

1  engineman   $5.00  $4.00 

1   fireman    2.50  2.00 

1  conductor    ; . . .- 4.00 

1  flag  man   ■ 3.00 

2  laborers 2.60 

Coal  and  oil 2.75  12.0 

Total  for  315  cu.  yd $12.85  $25.00 

Cost  per  cu.  yd 0,04  0  12 

The  average  quantity  handled  by  this  machine  under  average 
conditions  is  from  4  to  5  cars  of  12  to  15  cu.  yd.  each  per  hr. 

A  railroad  running  into  Chicago  made  the  following  record -in 
1914;  51  dump  cars,  holding  765  cu.  yd.  of  very  hard  blue  clay 
were  loaded  in  7  hr.,  at  an  average  cost,  including  train  crew, 
ditcher  crew,  coal,  oil,  .etc.,  of  4.9  ct.  per  cu.  yd.  In  31  davs 
18,000  cu.  yd.  were  loaded  at  an  average  cost,  including  a  9-mil8 
haul  to  dunip,  of  10  ct.  per  cu.  yd.  25  ot.  per  cu.  yd.  was  the  price 
for  steam  shovel  work  on  the  same  job. 

'  Ditching  on  the  Southern  Railway.  Engineering  and  Con- 
tracting, May  20,  1918,  states  that  the  greater  part  of  the  right 
of  way  ditching  on  the  Southern  Ry.  was  done  by  American  rail- 
way ditchers.  On  a  recent  .job  one  of  these  ditchers,  working 
in  rocky  soil  where  the  digging  was  very  hard,  took  out  of  the 
ditclies  and  dumped  an  average  of  623  cu.  yd.  per  day  for  a  period 
of  25  days.  On  the  first  day  work  was  commenced  at  6  a.  m.  and  . 
stopped  at  4:30  p.  m.  Train  service  held  up  the  digging  for  2 
hr,  ^jxi  anotjher  hr.   w.a§  consumed  taking  on   coal   and  water, 


DITCHES  AND  CANALS  OfiO 

leaving  7%  hr.  of  actual  working  time.  I^i  this  time  704  cu.  yd. 
of  material  were  taken  out  of  the  ditches,  deposited  on  a  fill 
and  leveled  off  with  the  spreader.  On  this  day  1  ton  of  coal, 
1,200  gal.  of  water,  1  qt.  of  oil  and  1  lb.  of  waste  were  used  in 
the  operation  of  tlie  ditcher. 
The  following  table  shows  the  work  accomplished  In  one  month: 

Hours   on    line    SOS^'f. 

Operation   delays,   hours    83 

Time   worked,   hours    159^ 

Cars   loaded    970 

Total  cu.  yd:  loaded 15,520 

The  cost  of  the  ditching  crew  per  day  was: 

Operator    *. ; . ; 3,34 

Fireman     -2.16 

Two  laborers  at  $1.55  3.10 

Total    $8, CI 

This  makes  $224  for  the.  26  week  days  worked,  or  1.5  ct.  per  cu. 
yd.  for  loading  only. 

On  this  particular  work  the  American  railroad  ditcher  was 
used  between  two  dump  cars,  which  were  dumped  by  hand,  there 
being  a  laborer  on  each  car  for  this  purpose.  These  two  men  also 
handled  "the  spreader  car.  On  other  ditching  work  on  the  South- 
ern two  and  sometimes  three  ditcher  dump  car  work  trains  are 
used. 

Ditching  with  an  Electrically  Operated  Ditcher.  Engineering 
and  Contracting,  Jan.  15,  1910,  abstracts  the  following  by  Charles 
W.  Ford,  from  the  Electric  Railway  Journal. 

On  the  Kansas  City,  Clay  County  and  St.  Joseph  Railroad,  a 
78-mile  electric  line,  an  American  railroad  ditcher  was  placed 
in  operation  in  1915.  The  ditcher  has  a  20-hp.  motor  and  oper- 
ates on-  1,200  to  l,50tf  volts.  It  was  the  first  electrically  oper- 
ated machine  of  this  type  to  be  built.  The  ditchei;  is  mounted  on 
a  specially  constructed  flat  car  50  ft.  long  and  with  a  capacity 
of  100,000  lb.  The  ditcher  travels  back  and  forth  on  the  car  on 
two  sections  of  100-lb.  A.  S.  C.  E.  rails,  this  being  necessary  in 
order  to  permit  the  flexibility  of  forward  or  backward  motion  when 
loading  the  shovel  or,  if  the  material  is  to  be  hauled,  when  un- 
loading into  dump  cars  placed  in  front  of  the  ditcher.  A  great 
amount  of  the  material  that  is  necessary  to  handle  out  qf  the 
ditches  is  a  grade  of  clay  which  is  exceedingly  difficult  to  dig 
when  dry,  and  is  about  the  stickiest  substance  extant  when  wet. 
Rock  and  shale  are  common  in,  the  cuts  along  the  line  and  ^  few^ 
years  ago  slides  were  not  uncommon  in  wet  weather.  In  most 
instances  the  material  taken  from  the  ditches  and  the  cuts  is  de- 
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posited  on  fills,  but  in  shallow  cuts -the  material  taken  from  the 
ditches  is  in  many  cases  deposited  on  the  surface  of  the  sides  of 
the  cut,  thus  providing  an  embankment  wJiich  takes  the  place  of 
surface  ditches.-  This  operation,  which  is  much  more  rapid  than 
is  the  use  of  dump  cars,  eliminates  the  haul  entirely.  The  dump 
cars  are  of  the  side-dump  type,  holding  20  cu.  yd.  and  are  operated 
by  air,  the  entire  train  being  hauled  by  an  electric  locomotive. 

During  1918  it  was  necessary  to  use  the  ditcher  for  a  period  of 
only  two  months,  and  for  the  60  days  from  May  1  to  July  1, 
1918,  the  following  figures  covering  an  average  day's  work  have 
been  compiled: 

Work:    Right-of-way  ditching,  cut  widening  and  bank  filling. 

Katerial:  Clay,  fairly  drj  and  tough,  with  some  stone  and 
shale.  > 

Length  of  day:    Fourteen  hours.    . 

Time  actually  working:  Seven  and'one  half  hours.  (This  in- 
cludes tht  time  consumed  in  ditching,  dumping,  trav- 
eling to  and  from  the  siding,  clearing  for  trains.) 

Crew  used :  Operator  and  two  laborers :  Train  crew :  Mo- 
torman  and  conductor. 

Daily  Cost: 

Payroll     >,  123.52 

Power     .; 5.00 

Oil,  waste  and  repairs  2.50 

Incidentals     1.26 

Total    : J32.2S 

Average  daily  yardage,  cu.  yd 225  6       ; 

Cost  per  yard,  ct 14  3  '" 

Fig.  26  shows  the  unit  cost  for  different  lengths  of  haul. 

A  Ditching  Car  with  Plows  arid  Scrapers.  Engineering  News, 
May  7,  1896,  describes  »  car  equipped  with  plows,  mold  boards, 
scrapers,-  and  excavator  or  ditching  scoops,  as  used  in  1895  on 
the  St.  Louis  Southwestern  Ry.  This  machine  consists  of  a  flat 
car,  on  which  is  mounted  a  compressed-air  operated  crane,  from 
which  are  hung  the  cutting  and  loading  devices.  The  method  of 
working  consists  in  cutting  one  or  two  furrows,  20  in.  deep  by  36 
in.  wide,  with  the  plow,  then  using  the  scraper  to  bring  the  earth 
from  the  ditch  up  toward  the  track,  or  to  throw  it  up  and  away 
from  the  track  as  desired,  and  finally  to  trim  off  the  e.x:cavation 
with  the  mold  board.  The  ditching  scoop  is  used  in  deep  cutting. 
It  is  filled  in  the  manner  of  a  drag  scraper,  hoisted  up,  and 
-dumped  when  the  car  has  been  run  to  the  dumping  place. 

The  force  required  consists  of  1  conductor,  2  brakemen,  1  air- 
man, and  2  laborers,  costing  $18.30  per  day.  A  locomotive  is 
required  for  pushing  the  car,  bringing  the  total  cost  up  to  about 
$30  per  day.  Under  favorable  conditions  1.5  to  2  miles  of  ditch 
and  embankment  were  dressed  in  a  day. 
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The  Bowman  Ditcher.  Engineering  News,  Jan.  20,  I&IO,  gives 
the  following : 

,,_  This  machine  (Fig.  27)  is  designed  for  constructing  or  clean- 
ing railroad  ditches.  It  consists  of  a  car  carrying  fow  pneu- 
matic  cranes    (two   on   each   side)    for   handling   plows,:  scoops, 

-slopers,  and  spreaders,  air  cylinders,  air  reservoirs^  and ,  three 
Westinghouse  compressors.  Steam  for  the  compressors  is  sup- 
plied by  the  attendant  locomxjtive.     In  operation,  the  ground  is 
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Actual  Workinq  Hours 

Fig.  26.     Cost  Diagram  for  Electric  Ditcher. 


first  broken  up  with  a  special  heavy  plow,  drawn  at  the  end  of 
an  arm,  by  the  oar.  The  scoops  are  then  put  in  position  and 
pulled  through  the  loose  material.  These  scoops  each  hold  4 
cu.  yd.-  Fig.  27  shows  the  machine  with  both  scoops  loaded,  one 
having  been  hoisted  to  the  carrying  position.  The  filled  scoops 
are  lifted  to  this  position  by  the  cranec,  and  the  locomotive 
tows  the  ditcher  to  the  dumping  place.  When  necessary  the 
dumped  material  is  leveled  off  with  the  spreader.  The  pitcher 
is  then  returned  to  the  cut  and  makes  the  final  slope  of  the  bank 
with  the  sloper.     The  process  is  repeated  if  necessary.     On  one 
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section  of  the  Southern  Pacific  R.  R.,  where  an  average  travel  of 
1,200  ft.  only  was  required  from  cut  to  dump,  in  hard  sun-baked 
soil,  a  total  of  600  cu.  yd.  was  removed  in  6  hr.  This  was  done 
in  30  loads. 

Highway  Ditches.  Not  only  should  wagon  roads  always-  have 
ditches  on  each  side  of  them,  when  the  road  goes  through  a  out, 
but  these  ditches,  to  serve  their  purpose,  should  be  kept  clean. 
To  do  this  work  by  hand  is  quite  expensive,  so  whenever  possible 
other  methods  are  used. 


Fig.  27.    The  Bowman  Ditcher. 


The  large  four-wheeled  road  machines  are  useful  for  this  pur- 
pose and  well  adapted  to  the  work.  They  are  used  not  only  to 
shape  up  the  road,  but  also  to  cut  out  the  V-shaped  ditches  and 
to  maintain  them. 

Besides   these   fbur-wheeled   road   machines   there   are   on   the 
market  a  number  of  two-wheeled  road  machines  or  graders  as 
they  are  frequently  called. 
.,  There  are  also  other  small  graders  meant  to  be  drawii  by  two 

'  horses,  but  instead  of  being  mounted  on  wheels  they  are  dragged 
en  the  ground.     Some  10  or  12  firms  make  graders  of  the  above 

,  kind  and  they  can  all  be  used  in  ditch  work.     When  the  material 
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is  soft  and  wet  road  drags  can  also  be  used  to  clean  out  ditches 
along  wagon  roads,  and  the  ditch  can  be  made  to  conform  to  the 
crown  of  the  road. 

See  Chapter  IX. 

Gopher  Ditches.  Engineering  and  Contracting,  Sept.  13,  1010, 
gives  the  following: 

Many  miles  of  "  gopher  ditch "  ( Fig.  28 )  have  been  con- 
structed for  sub-drainage  in  Southern  California.  It  has  the  ad- 
vantage over  open  ditches  that  no  land  is  taken  from  cultiva- 
tion and  no  barrier  is  formed  to  free  travel  for  agricultural  oper- 
ations.    It  calls  for  less  investment  than  tile  drains.     Its  di.-aJ- 
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Fig.  28.     A  Gopher  Ditch  for  Land  Drainage. 


vantage  is  the  possibility  of  complete  closure  by  caving.  A  short 
life  would  also  seem  to  be  natural,  but  it  is  stated  that  it  has 
been  found  that  gopher  ditches  will  give  service  from  5  to  14 
years,  depending  upon  the  character  of  the  ground. 

The  construction  of  gopher  ditches  requires  special  machinery. 
At  the  Santa  Ana  Sugar  Co.  farms  the  outfit  comprised  a  special 
gopher  ditch  plow  and  three  Holt  caterpillar  tractors  for  hauling 
the  plow.  The  plow  is  the  special  tool.  It  consists  of  a  strong 
carriage,  which  rides  on  the  surface  and  carries,  projecting  down- 
ward, the  plow  proper,  which  can  be  raised  and  lowered  by  suit- 
able mechanism.  Attached  to  its  heavy  framework  is  a  single 
knife-blade  beam,  thin  enough  to  avoid  any  great  disturbance  on 
the  surface  of  the  soil,  yet^  wide  enough  to  give  it  strength  for 
withstanding  the  terrific  strains  to  which  it  is  subjected.  The 
construction  of  this  part  of  the  tool  is  very  similar  to  that  of  a 
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subsoiler.  At  the  point,  however,  there  is  attached  a  torpedo- 
shaped  affair,  made  of  steel;  this  is  the  gopher. 

In  operation,  the  gopher  is  run  down  4  ft.  below  the  surface  of 
the  ground  and  is  then  pulled  straight  forward.  The  plow  used 
by  the  Santa  Ana  Co.  had  a  gopher  8  in.  across,  so  that  it  made  a 
drain  ditch  8  in.  in  diameter.  The  point  of  the  gopher  is  so 
shaped-  that,  as  it  is  forced  through  the  ground,  it  spreads  the 
earth  evenly  to  all  sides  of  it,  packing  it  tight  and  making  a 
solid,  smooth-faced  closed  ditch. 

Maintenance  of  Ditches  and  Canals.  The  proper  maintenance 
of  drainage  canals  and  irrigation  ditches  is  second  in  importance 
only  to  their  construction.  Banks  are  washed  by  rain  or  under- 
cut by  the  current.  '  Too  steep  slopes  cause  slides,  and  burrowing 
animals  aid  in  the  destruction,  e^ecially  of  the'  banks  of  ele- 
vated irrigation  ditches.  Channels  become  cioggeJ  with  weeds 
and  debris  so  that  the  velocity  of  the  stream  is  decreased  and 
material  washed  from  the  banks  in  one  place  is  deposited  as  silt 
in  another.  Thus  in  time  uncared  for  channels  become  entirely 
clogged.  While  this  matter  is  of  chief  interest  to  irrigation  and 
drainage  engineers  it  should  not  be  overlooked  during  construc- 
tion. 

Design  and  Construction  of  Ditches  to  Reduce  Maintenance. 
E.  H.  Cowan,  in;  a  paper  before  the  111.  Soc.  Engineers  and  Sur- 
veyors, 1910,  said: 

In  establishing  the  grade  line  of  a  ditch  the  ideal  to  be  aimed 
at  is  a  uniform  rate  of  fall  from  source  to  outlet.  The  gradient 
should  be  fiat  enough  to  prevent  erosion,  yet  steep  enough  so  that 
at  times  of  maximum  ilow  loose  material  which  has  settled  into 
the  bottom  of  the  ditch  will  be  washed  away.  This  ideal  gradient 
can  very  seldom  be  used,  on  account  of  other  rigid  determining 
conditions,  but  the  nearer  it  can  be  approached  the  better. 

Humps  in  the  grade  line  can  not  be  considered  objectionable 
from  a  maintenance  standpoint,  but  sags  are  very  objectionable 
and  should  be  avoided  wherever  possible.  It  is  a  great  mistake  to 
break  up  the  grade  line  into  short  sections  for  the  purpose  of  sav- 
ing a  small  percentage  of  yardage,  except  in  the  somewhat  rare 
case  of  the  ditch  being  through  soil  which  will  not  erode'  under 
the  most  extreme  conditions,  because  if  a  stream  of  water  con- 
taining suspended  matter  passes  down  a  ditch  over  a  sag  to  a 
flatter  slope,  the  coarser  particles  will  be  deposited,  and  the  'itch 
will  give  trouble  at  that  point.  For  the  same  reason  curves 
should  be  as  flat  as  possible,  in  order  that  the  velocity  of  the  water 
may  not  be  checked  and  deposits  occur. 

In  designing  ditches,  maintenance  requirements  should  be  con- 
stantly borne  in  mind.     Narrow  bridge  openings  cause  more  or 
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less  filling  due  to  eddies  which  are  formed.  Concrete  bridges 
should  not  be  used  where  the  channel  is  to  be  kept  clear  of  silt 
with  a  dredge,  unless  they  are  high  enough  for  the  dredge  to  pass 
under.  Outlets  for  tile  drains  and  smaller  ditches  should  enter 
the  main  ditch  at  an  acute  angle  to  prevent  erosion  at  these  points. 

If  ditches  are  gone  over  every  year,  hand  and  team  work  will 
be  likely  to  be  principally  relied  on.  The  former  is  to  be  pre- 
ferred, even  in  places  where  the  cost  would  be  considerably  greater, 
for  the  reason  that  the  dragging  of  scrapers  up  the  banks  harrows 
them  up  and  leaves  much  loose  material  on  the  slopes  which 
will  be  washed  back  in  by  the  next  rain.  The  writer  once  under- 
took to  clean  out  a  narrow,  deep  canal  leading  to  a  water  works 
intake.  Each  year  or  two  during  the  previous  10  years  this  canal 
had  been  cleaned  out  by  teams  and  scrapers,  but  it  would  soon  All 
in  again.  The  method  the  writer  used  involved  the  lifting  of  the 
scrapers  out  with  a  derrick,  thus  not  disturbing  the  slopes,  and 
the  result  was  that  the  canal  stood  at  least  6  years  without  any 
further  repairs.  , 

E.  E.  Watts,  in  a  paper  read  in  1902  before  the  Indiana  Engi- 
neering Society,  estimated  that  the  expense  of  maintaining  a  10- 
mile  ditch  running  25,000  cu.  yd.  per  mile,  in  operation  5  years, 
need  not  exceed  $10  per  mile  per  year.  This  is  a  very  small 
amount  compared  with  the  benefit  to  be  obtained  from  keeping  the 
ditch  always  in  good  condition. 

Grades  Required  for  Self-Cleaning  Ditches.  G.  P.  Smith,  in  a 
paper  before  the  Iowa  Engineering  Society,  Jan.  1912,  said: 

The  proper  construction  and  the  proper  maintenance  after  con- 
struction of  open-drainage  ditches  is  a  subject  for  the  serious 
consideration  of  drainatje  engineers.  If  sufBcient  velocity  or  vol- 
ume of  flow  can  not  be  procured  to  give  the  water  a  silt-carrying 
capacity,  we  know  that  the  si't  will  inevitably  lodge  in  the  chan- 
nel and  eventually  fill  it.  When  we  have  not  the  available  fall 
and  know  that  the  water  will, deposit  siltage,  our.  greatest  efforts 
must  be  to  see  that  the  drain  is  so  constructed  and  so  protected 
as  to  prevent  earth  from  caving  or  being  washed  into  the  channel. 

Levels  were  taken -in  Webster  County,  Iowa,  in  1909  over  some 
60  miles  of  ditch  that  had  been  constructed  in  1905  and  1906. 
These  ditches  had  bottom  widths  varying  from  4  to  20  ft.,  grades 
from  1.5  to  10  ft.  to  the  mile,  and  were  all  supposed  to  have  been 
constructed  with  8-ft.  berms  and  1  to  1  side  slopes.  They  gen- 
erally had  a  minimum^ cut  of  approximately  7  ft. 

The  levels  on  the  mains,  where  the  area  drained  was  some 
16,000  to  18,000  acres  or  over,  showed  that  the  ditch  was  self- 
cleaning  with  a  fall  of  2  ft.  to  the  mile.  On  one  main  outlet  drain 
with  a  trilmtary  watershed  of  some  28,000  acres,  the  drain  had 
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been  deepened  a  few  inches  by  the  erosion.  The  fall  was  2  ft. 
to  the  mile.  -We  found  that  drains  with  tributary  sheds  of  about 
2,000  acres  were  not  self-cleaning  at  less  than  about  5  ft.  to  the 
mile.  With  flatter  grades  and  the  same  size  drainage  area  the 
siltage  rapidly  increased,  till  at  grades  of  2  ft.  to  the  mile  we 
found  an  average  of  2  ft.  of  siltage,  and  with  1.5  ft.  to,  the  mile 
as  much  as  3  ft.  of  filling  in  the  drains,  thus  nearly  destroying; 
their  usefulness.  A  4-ft.  grade  required  some  4,000  acres  before 
it  became  self-cleaning.  A  3-ft.  grade  did  not  seem  to  be  self- 
maintaining  with  a  shed  area  of  less  than  6,000  to  7,000  acres. 

Ifedessity  for  Adequate  Depth  in  Drainage  Ditches.  Richard 
L.  Longshore,  in  Engineering  Record,  Feb.  21,  1918,  giv.es  the  fol- 
lowing: 

Adams  County,  Indiana,  with  a  total  area  of  337  square  miles, 
is  distinctly  a  farm  county.  More  than  96%  of  its  entire  area,  is 
in  farms  and  more  than  75%  is  under  cultivation.  Of  this  cul- 
tivated area  fully  80%  is  dependent' on  artificial  drainage.  The 
clay  and  Jieavy  black  loam  soils  of  the  county  reach  the  highest 
productiveness  only  when  thoroughly  drained  by  means  of  drain 
tile. 

The  accepted  standard  for  farm  drainage  systems  is  a  line 
of  4-in.  tile  every  66  ft.  These  tile  are  laid  in  24-  to  30-in. 
trenches  drained  into  8-in.  tile  at  a  30-in.  depth.  These  8-in.  tile 
follow  the  natural  depressions  and  water  courses  of  the  land, 
running  either  into  a  county  or  community  drain.  These  outlet 
drains  are  feeing  tiled  up  to  and  including  30-in.  pipes.  The  aver- 
age depth  of  such  drains  ranges  from  4  to  16  ft.  For  drains  above 
this  size  open  ditches  are  used.  These  ditches  flow  into  creeks 
or  natural  streams.  Since  the  slope  of  most  of  these  streams  is 
between  1  and  2  ft.  per  thousand,  it  is  nearly  always  necessary 
to  open  and  improve  the  channel  throughout  the  entire  length. 
The-farmer  at  the  source  of  a  drainage  system  is  thus  often  in- 
terested in  the  construction  and  maintenance  of  10  to  20  miles 
'of  drain. 

The  first  open  ditches  were  constructed  from  3  to  6  ft.  in 
depth  and  of  sufficient  size  to  carry  surface,  water  only.  With 
the  extensive  subdrainage  of  the  land  it  has  become  necessary  to 
reconstruct  these  main  outlet  jirains  with  suSicient  depth  and  ca- 
l)acity  to  take  care  of  the  new  subdrainage.  During  the  last  three 
years  county  drains  have  been  built  under  the  direct  supervision 
of  this  office  as  follows:  36  miles  of  outlet  open  drain,  compris- 
ing three  main  lines,  14,  12  and  3  miles  in  length  and  two 
branches  of  3  and  4  miles  in,  length.  The  bottom  widths  of  the 
channels  range  from  6  to  16  ft.  and  the  depths  from  8  to  14  ft. 
In  designing  these  drains  depth  was  considered  first  of  all.     Eight 
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feet  was  adopted  as  the  minimtim  depth  and  a  channel  was  then 
designed  sufScjent  to  carry  50%  more  than  the  maximum  runoff 
as  computed  from  available  data. 

Two  reasons  may  be  stated  for  maintaining  this  minimum  depth 
of  8  ft. 

(1)  The  average  depth  of  lateral  tile  outlet  drains  at  the  junc- 
tion with  the  open  ditch  is  6  ft.  Freezing  is  very  destructive 
to  a  tile  system  with  stagnant  water  in  the  pipes,  especially  at 
the  outlet,  where  the  drain  is  open  to  the  air.  Therefore  the 
open  drain  must  be  at  least  2  it:  deeper  so  that  the  entire  tile 
System  may  drain  off  and  be  completely  dry  before  hard  freezing^ 
When  the  breakup,  comes  in  the  spring  it  is  important  that  the 
open  drain  be  deep  enough  ta  carry  all  surface  water  so  that  the' 
water  level  is  below  the  tile  before  the  subdrains  begin  to  flow. 
The  subdrains  must  carry  off  practically  all  stored  rainfall  from 
December  to  April,  besides  the  heavy  spring  rains,  inside  a  few 
days.  A  difference  of  two  weeks  in  the  effective  operation' of  tlie 
subdrains  in  spring  makes  a  vast -difference  in  the  farming  oper- 
ations of  the  'whole  season. 

(2)  The  land  along  the  line  of  the  open  drains  is  often  the 
most  productive  on  the  farm  and  an  overflow  even  for  a  short 
time  during  the  summer  season  would  be  very  destructive.  The 
average  rainfall  in  this  district  is  32  in.  per  year  with  a  maxi-r 
mum  recorded  monthly  fall  of  8.35  in.,  yet  during  the  two  years 
the  new  drains  have  been  in  operation  the  water  level  has  never 
yet  reached  the  top  of  the  channel,  except  for  short  periods  at 
the  outlet,  and  this  was  caused  by  backwater  from  the  river. 
Even  in  these  places  the  deep  channel  caused  the  water  to  recede 
in  one-fourth  the  time  required  before  the  improvement. 

The  excavation  for  the  12-  to  16-ft.  bottoms  was  made  with  a 
floating  dredge  having  a  1%-yd.  dipper  and  the  smaller  bottoms 
were  excavated  by  means  of  ditching  machines,  or  as  they  are  lo- 
cally called,  "  dry-land  dredges,"  with  %-yd.  dippers.  The  con- 
tract prices  ranged  from  6  ct.  per  cu.  yd.  for  wet  dredge  work  to 
10,  14  and  15  ct.  per  cu.  yd.  for  dry-land  work.  The  assessment 
sheets  including  all  supervision  ranged  from  $1.25  per  acre. for 
wet  dredge  work  to  $3.00  per  acre  for  dry  dredge  work.  Notwith- 
standing the  difference  in  price  the  dry  dredge  work  is  the  more 
satisfactory  and  wherever  a  machine  of  this  type  is  practicable, 
the  taxpayers  insist  on  its  use. 

Combating  Weeds  Along  Irrigation  Canals.  W.  M.  Wayman, 
in  Engineering  News,  July  4,  1912,  discusses  methods  of  combat- 
ing weeds  and  burrowing  animals  along  irrigation  canals.  He 
advocates  tjie  use  of  Ziemsen's  weed  cutting  saw  for  destroying 
moss  or  water  weeds.     This  saw  is  made  of  about  the  thickness  of 
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the  ordinary  hand  saw,  is  about  %  in.  wide  and  has  hook  teeth 
on  each  side-  The  saw  is  twisted  so  that  it  is  turned  clear  around 
about  once  every  foot.  There  are  torpedo-ahaped  weights  on  this 
about  every  4  ft.  which  hold  it  to  the  bottom  of  the  canal.  This 
saw  ,i9  operated  by  a  man  on  each  bank  and  two  ordinary  men 
can  cut  from  a  mile  to  a  mile  and  a  half  of  moss  in  a  day.  It 
is  usually  necessary  to  place  a  screen  across  the  canal  in  some 
conveniient  place  below  and  have  two  men  there  to  pull  out  all  the 
moss  which:  has  been  loosened  up  and  floats  down  to  the  screen. 
This  saw  liS' handled  by  Asonert  Bros.,  West  Bend,  Wis.,  and  a 
10-yd.  saw  complete  costs  $20.   ,  The  saw  alone  is  $1.50  per  yard. 

Dragging  a  hteavy  chain  along  the  bottom  with  a  horse  on  each 
bank  will  accomplish  the  same  result. 

Luxurious  crops  of  land  weeds  grow  along  the  banks  of  canals 
to  stich  an  extent  that  it  is  impossible  to  work  on  them  without 
first  '  clearing  this  growth  away.  As  they  dry  up  in  the  fall 
and  the  frost  strikes  them  they  loosen  up  at  the  ground  and  the 
wind  blows  them  into  the  canal.  Frequently  ditch  banks  are 
lined  with  weeds  of  this  character.  One  windy  night  will  put  so 
many  in  a  canal  that  it  will  become  blocked  and  often  cause  seri- 
ous breaks.  They  will  lodge  at  every  structure  and  are  an  item 
that  requires  very  careful  watchfulness  and  sometimes  great  ex- 
pense to  avoid  serious  disaster.  In  some  localities  the  ditch  banks 
have  been  cleaned,  loosened  up  and  sowed  to  rye.  This  rye  will 
reseed  itself  and  in  some  places  has  protected  the  ditch  consider- 
ably: from  drifting  sands  and  weeds  and  wherever  rye  thrives  it 
will  choke  the  weeds  out;  aside  frqm  this  advantage  the  rye  pre- 
sents a  much  more  pleasing  appearance  than  weeds. 

Pasturing  sheep  is  another  method  of  keeping  down  weeds  that 
has  been  employed  with  some  success. 

It  would  seem  advisable  to  include  the  seeding  down  of  canal 
banks  in  the  original  construction  contract.  This  can  be  done 
cheapest  while  the  dirt  is  still  soft  and  clean.  Suitable  grass  seed 
could  be  plantied  with  the  rye  to  make,  pasture  for  sheep,  or  to 
make  a  permanent  sod  for.  bank  protection.  In  dry  regions  where 
canals  are  endangered  by  blowing  sand,  such  grass  could  be  kept 
alive  by  irrigation,  watering  it  by  means  of  a  small  floating 
pumping  plant  and  hose. 

Cleaningf  Drainage  Ditches  with  a  Water  Jet.  Engineering 
and  Contracting,  Oct.  28,  1914,  gives  the  following  methods  em- 
ployed in  cleaning  drainage  ditches,  as  described  by  Seth  Dean, 
in  the  Proceedings  of  the  Iowa  State  Drainage  Association: 

In  the  spring  of  1910  a  bed  of  silt  ranging  from  6  in.  to  3  ft.  in 
thickness  and  three-fojurths  of  a  mile  in  length  was  cleaned  from 
a  channel  originally  cut  16  ft.  wide  on  the  bottom.     At  the  time- 
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in  question  the  stream  of  water  flowing  over  the  silt  was  about 
10  ft.  wide  and  1  ft.  deep,  the  rate  of  fall  being  about, 2  ft., 
per  mile.  There  was  considei'able  sand  and  some  drift  in  the  silt 
but  no  growth  of  weeds  or  brush.  The  plant  used  consisted  of  a 
scow,  7x18  ft.  in  size  and  16  in.  deep,  made  of  1-in.  plank.,  In 
the  bottom  of  the  scow  a  platform  of  2-in.  plank  was  laid  to  sup- 
port the  machinery,  which  consisted  of  a  4-hp.  gasoline  engine 
belted  to  a  Myers  pump  with  3-in.  suction  and'  2^-in.  discharge. 
The  pump  was  equipped  with  10  ft.  of  3-in.  suction  hose  with 
strainer  on  the  inlet  end,  and  for  discharge  had  abqut  15  ft. 
of  2^^-in.  fire  hose  with  1-in.  nozzle.  The  scow  when  loaded  re- 
quired about  6  in.  depth  of  water  to  fioat.  Commencing  at  the 
lower  end  of  the  silt  bed  the  boat  was  poled  forward  or  held  in^ 
place,  as  required,  and  a  jet  of  water  turned  through  the  nozzle 
into  the  silt  that  readily  broke  and  stirred  it  up,  permitting  the 
water  to  float  it  away.  '  The  work  was  done  in  March  and  April, 
when  the  flowing  water  was  clear  and  capable  of  carrying  silt  in 
suspension ;  the  distianee  from  the  center  of  the  silt  bed  to  the  out- 
let of  the  ditch  was  about  10.000  ft.,  and  the  current  sufficiently 
strong  so  that  little  settling  of  silt  occurred.  Three  highway  and 
one  railroad  bridge  spanned  the  ditch  ini  the  distance  cleaned,  but 
the  boat  readily  passed  under  them.  Two  men  operated  the  ma- 
chine and  the  total  amount  of  silt  removed,  was  2,346  cu.  yd.  in 
33  working  days.     The  cost  of  the  equipment  was  as  follows,  viz. : 

Scow $  45:00 

!Ehgi'iie  and  pump'' 200.00 

15-f t.  condemned  hose  and  nozzle  3.00 

Belting  and  fixings    8.60 

Freight  hauling  and  setting  up '32.00 

Two  men  33, days  at  %i 132.00 

•      Gasoline  and  oil   „ 26.40 

Repairs  on  machinery ■.  1.05 

Total ■■■■ $448.05 

After  the  work  was  completed  the  plant  was  disma,ntled  and  the 
engine  and  pump  shipped  to  other  work  which  was  icharged  witji 
their  cost,  thus  making  the  net  cost  of  the  plant  $248.05  and  the 
cost  of  cleaning  10.53  ct.  per  cu.  yd. 

On  one  occasion  a  bed  of  silt  interspersed  with  logs,  bruph, 
cornstalks,  etc.,  was  removed,  using  drags  made  from  the  beams 
and  shovels  of  wornout  corn  cultivators  by  bolting  the  parts 
together  in  such  manner  that  they  presented  the  appearance  of 
two  anchors  placed  at  right  angles.  The  point  of  the  beam 
was  fitted  with  a  swivel  so  the  implement  could  revolve.  By  at- 
taching ropes  to  the  drag,  placing  a  team  on  each  bank  and 
dragging  the  plow  in  the  channel,  the  mass  was  broken  up..  After 
pulling    out    the    logs    and    wire    (dynamite    being  iwsed    some- 
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times  to  dislodge  them )  the  water  floated  out  the  silt.  A  close 
measurement  of  the  silt  and  drift  removed  from  the  channel  was 
hot  ihade,  as  the  woi-k  was  done  under  the  day  labor  system,  but 
approximately  2,800  cu.  yd.  were  taken  out,  the  cost  being  the  fol- 
lowing items: 

•/       Four  team  drivers, -at  $3.50  each  for  24  days $336.00         N 

Two  drags  with  ropes  and  fixtures, 10.00 

Dynamite '. 5.00 

Foreman,  24  days  at  $2.60   60.00 

Total  at  15  ct.  per  cu.  yd ' $411.00 

In  the  fall  of  1912,  Seaton's  ditch,  near  Missouri  Valley,  was 
cleaned  and  deepened.  This  is  a  drainage  ditch  7,600  ft.  long 
with  6  ft.  bottom  width,  and  side  slopes  1  to  1.  During  the 
rainy  season  and  for  a  time  afterward  the  ditch  carries  water  but 
is  usually  dry  during  the  fall  months.  The  work  of  cleaning 
was  done  by  contract  at  19  ct.  per  cu.  yd.  The  contractor  bid" 
to  do  the  work  with  teams,  but  the  ground  proved  too  soft  for  this 
method,  and  a  small  drag  line  dredge  was  purchased  and  the 
work  successfully  carried  out  with  this,  which  proved  to  be  an 
excellent  machine  for  the  work.  The  machine  was  made  of  light, 
timber  constiuction.  The  framework,  16  ft.  wide,  was  mounted 
on  rollers  and  designed  to  work  astride  the  ditch  in  clean-out 
work.  The  power  was  generated  by  an  8-hp.  gasoline,  which  also 
served  to  move  the  machine  forward  or  transport  it  from  one 
job  to  another  along  the  country  roads  if  the  distance  is  not 
great.  It  used  a  one-third  yard  scoop.  Two  men  operated  it,  us- 
ing about  10  gal.  of  gasoline  per  day.  About  250  cu.  yd.  of  earth 
in  ten  hours  was  the  capacity  of  the  machine  on  the  job  in  ques- 
tion. The  machine  is  of  wood  construction  and  is  not  very  dur- 
able, but  as  most  ojE  it  is  of  sizes  kept 'in  all  lumber  yards,  de- 
fective parts  can  be  easily  replaced. 

Navigable  Canals.  These  are  usually  dug  through  fairly  .level 
ground.  Their  even  depth,  the  continuous  use  of  the  same  cross- 
section  for  great  distances,'  and  the  large  amount  of  excavation, 
lead  to  the  use  of  highly  specialized  excavating  machinery. 

The  Panama  Canal.  This  was  dug  under  such  special  circum- 
stances and  conditions^  as  to  make  it  unwise  to  include  data  on 
its  construction  in  this  chapter.  Approximately  a  quarter  of  a 
billion  cubic  yards  of  earth  and  rock  were  excavated.  Reports 
of  the  Isthmian  Canal  Commission,  containing  considerable  cost 
data,  are  available  to  any  one  who  wants  to  study  the  subject. 
A  further  reason  for  excluding  data  on  the  Panama  Canal  from 
this  chapter  is  that  it  crosses  Such  rough  country  that  the  use  of 
special  canal  excavating  equipment  was  impossible. 
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The  Chicago  Drainage  Canal.  This  was  dug  during  1894  and 
1895,  largely  with  steam  shovels. 

Fig.'  29  shows  the  ^arrangement  of  the  steam  shovels  and  in- 
clines as  operated  by  one- of  the  Chicago  Canal  contractors.  The 
traveling  incline  is  provided  with  a  tipple  very  similar  to  those, 
used  in  coalmining.  The  shovel  first  takes  out  a  cut  8  ft. -deep 
the  full  length  of  the  excavation,  as  shown  in  Fig.  29  marked  1st 
cut.  The  next  cut  is  carried  to  a  depth  of  1,5  it,,  and  the  third 
ctit  to  a  depth  of  20  ft.  below  the  original  ground  >  level.  After 
the  third  cut  is  made,  the  excavation  is  carried  no  deeper  until 
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Fig.   29.     Arrangement  of  Steam   Shovels  and  Inclines. 


by  successive  slices  the  full  width  of  the  channel  has  been  ex- 
cavated. The  top  lift  of  20  ft.  being  removed,  work  is  begun  at 
the  edge '  of  the  slopes  of  the  bottom  lift  exactly  as  before.  In 
the  plan,  Fig.  29,  the  incline  or  conveyor  4  shows  ropes  for 
pulling  the  approach  trestle  of- the  incline  forward;  a  horse  whitn 
or  ■  block  and  tackle  to  the  engine  being  used.  The  engine  and 
incline  proper  are  carried  on  a  car,  the  machinery  being  merely 
a  10  X  16-in.  double  cylinder  hoisting  engine  of  7^  hp.  Actual 
experience  on  the  Chicago  Canal  has  proved  that  such  an  incline 
can  'handle  900  cu.  yd.  per  10-hr.  day,  day  in  and  day  out, 
the  steam  shovel  being  in  fact  the  lihiiting  factor.  The  trussing 
of  the;  incline  proper  and  the  working  of  the  tipple  are  shown  in: 
Fig.  30,  in  which  M  is  a  sheave  around  which  the  cable  from  the 
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engine  passes  to'  the  sheave  E,  thence  to  the  car;  G  and  H  ure 
counterweights  that  pull  the  tipple  back  after  the  load  is  dumped. 
The  erigineman  at  no  time  sees  the  car,  but  slows,  up  when  he 
hears  the  bell  rung  by  the  car  whose  wheel  flange  strikes  a  bell 
lever  near  the  tipple.  The  front  wheels  of  the  car  strike  a  buffer 
L;  the  car  stops  alld^as  the  engine  is  still  pulling  on  the  cable, 
the  tipple  revolves,  dumping  the  load  out  of  the  front  end  of  the 
can  'As  the  tipple  revolves  it  pulls'  a  wire  that  operates  an  indi- 
cator in  the  engine  room,  so  that  the  engineer  knows  when  to  re- 
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lease  the  cable  and  let  the  tipple  revolve  back.  The  brake  for 
controlling  the  descent  of  the  car  is  operated  by  a  brakeman 
standing  on  the  incline  where  he  can  always  see  the  car.  Since 
there  are  two  cars  and  two  cables  there  are  two  brakemen  on 
each  incline,  each  man  Jiaving  a  lever  connected  by  wires  with 
the  brakes  on  the  engine  drum.  One  of  these  inelinea^  complete^ 
with  engines  is  said  to  have  cost  $4,000,  and  the  cost  of  operation 
of  a  steam  shovel  and  an  incline  per  10-hr.  shift  was  as  follows: 

4  tons  of  coal   @   $2   '. $  8.00 

•'•Eepairs    - »-5? 

22  men   @   $1.50  to  $3  M.OO 

Total      J60-00 

Operating  continuously  from  September,  1894,  to  July,  1895, 
on  the  Chicago  Canal  in  hard  clay  the  average  output  per  shift 
on  two  sections  was  670  cu.  yd.,  miaking  the  cost  about  9  ct.  per 
cu.  yd.,  not  including  interest  and  depreciation  of  plant.  The 
cost  of  coal,  labor  and  repairs  is  about  equally  divided  between 
the  steam  shovel  and  the  incline.  One  contracting  firm,  with 
2%-yd.  shovels"  made  cuts  20  ft.  wide  x  20  ft.  deep,  and  moved 
each  shovel  forward  about  13  times  in  10  hr..  making  a  6-ft.  move 
each  time.  It  took  2  min.  to  move  the  shovel  forward,  and  the 
incline  with  the  approach  trestle  rigidly  fastened  to  it  was  moved 
at  the  same  time.     Each  car  held  5  cu.  yd.  place  measure^'  and 
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was  filled  with  three  shovel  loads.  A  %-in.  wire  cable  was  used  in 
hoistmg«and  its  life  was  150,000  cu.  yd.  of  material  excavated, 
the  cars  being  moved  350  ft.  horizontailly  and  60  ft.  vertically. 

Another  method  of  attack  using  a  shovel  and  incline  is  shown 
in  Fig.  31.  In  this  case  the  shovel  makes  cuts  across  the  axis 
of  the  canal  instead  of  parallel  with  it.  It  will  be  noticed  that 
in  this  case  a, bridge  was  used  to  dump  through  instead  of  a  tipple, 
but  this  same  method  of  shovel  attack  has  also  been  used  with 


Fig.   31.     Shovels  Used  with  Incline  and  Dumping  Bridge. 


the  tipple  incline  just  described.  Using  a  1^  cu.  yd.  shovel, 
cuts  15  to  20  ft.  wide  X  16  ft.  deep  were  made,  the  shovel  work 
ing  for  1  hr.  and  then  moving  forward  14  ft.  When  a  cut  has 
been  made  clear  across  the  canal,  the  shovel  is  run  around  the 
curved  track,  as  shown  at  AB,  While  the  working  track  is  Shitted 
close  up  to  the  face  of  the  work.  At  the  same  time  the  bridge 
and  incline  are  shifted  by  horses  a  distance  of  20  or  25  ft.,  the 
whole  time  80  occupied  being  about  50  min.     The  cars  used  with 
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this  bridge  conveyor  hold  9  cu.  yd.  water  measure,  which  in 
blasted  hardpan  is,  taken  to  be  equivalent  to  5^  cu.  yd.  place 
measure.  The  car  has  an  A-shaped  bottom  and  ,  swinging  side 
doors  that  are  readily  tripped,  and  its  dead  weight  is  10,000  lb. 
The  bridge  ig  a  single  track  combination  wood  and  iron  Pratt 
truss,  traveling  on  tracks  as  shown.  The  shovel  is  the  limiting 
factor,  but  a  maximum  output  of  210  car  loads  in  10  hr.  has 


Detail  or  Tipple 

Showinq 
Method  or  Framing 


Fig.  32.    Details  of  Tipple  Incline. 


been  attained,  although  150  car  loads  was  the  average.  The 
force  engaged,  on  the  Chicago  Canal  in  tough  clay  was  1  shovel 
engineman,  1  cranesman,  1  fireman,  5  shovel  tenders,  12  labore'i's 
breaking  down  face  and  trimming  slopes,  2  men  on  bridge  truss, 
1  epgineman  and  1  fireman  on  incline,  a  total  of  24  men  besides  a 
foreman.  Two  centrifugal  pumps,  one  8-in.  and  one  10-in.  lifting 
3,000  gallons  per  min.  50  ft.  high,  were  used  to  keep  the  pit 
drained,  and  in  this  connection  it  should  be  observed  that  pump- 
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ing  cost  1  to  1.5  ct.  per  cu.  yd.  Work  was  suspended  during 
Eebruary,  March  and  April,  and  in  the  month  o£  Jam  ary  ^tUe 
ishpvel  output  was  20  to  30%  below  the  average  of  other  months. 

Fig-.,  32  shows  an  all  steel  incline  and  tipple  used  on  one  sec- 
rtipn  instead  of  the  bridge  conveyor,  blit  with  the  same  method 
of  shovel  attack  at  right  angles  to  the  canal  axis,  shown  in  Fig. 
-31.  It  will  be  observed  that  there  was  no  approach  trestle  used 
in  connection  with  this  incline,  and  that  the  engine  house  was 
on  a  separate  flat  car.  The  steel  trusses  of  the  incline  weighed 
5,800  lb.,  and  the  total  load  of  boilers,  flat  cars,  etc.,  wa^  100  tons. 
The  engines  were  llxl8-in.  double  Mundy,  and  with  the  boiler 
cost  $2,700.  The  shovel  cut  was  20  ft.  wide  x  18  ft.  deep  and  the 
best  month's  record  was  920  cu.  yd.  per  10  hr,  shift,  which  was 
the  best  record  made  on  the  canal  for  a,  month. , 

The  Bates  Belt  Conveyor,  Chicago  Canal.  On  section.  G  of  the 
Chicago  Sanitary  District  Canal,  a  belt  conveyor  designed  by 
Lindon  W.  Bates,  was  installed.  The  original  machine  was  built 
with  two  belts,  one  horizontal  belt  across  the  canal  and  up  the 
slope,  and  a  second  belt  up  and  across  a  movable  bridge.  The 
weight  of  the  load  held  the  belt  down  at  the  bottoin  of  the  slope. 
These  belts  were  22  in.  wide,  the  pit  belt  being  450  ft.,  and  the 
spoil  bank  belt  500  ft.  long.  The  belt  traveled  on  rollers  across 
the  valley  and  up  over  a  movable  bridge,  off  which  the  earth  was 
scraped  by  6-ft.  scrapers.  The  slope  of  the  bank  belt  was  2.5  to  1. 
The  material  was  clay,  excavated  by  a  steam  shovel.  As  the  clay 
was  delivered  by  the  shovel  in  large  lumps,  it  was  necessary  to 
break  the  lumps  up  in  a  "  granulator  "  siniilar  to  that  used  by 
brick  manufacturers.  Rain  and  snow  caused  slipping  and  clog- 
ging of  the  belt,  and  the  pit  had  to  be  kept  dry  as  the  belt  would 
^tall  when  loaded  with  mud  or  wet  material. 

The  plant  consisted  of  a  60-hp.  Toledo  steam  shovel,  a  120-hp. 
granulator,  and  a  50-hp.  power  par  driving  the  belt.  The  force 
employed  was  as  follows:  . 

The  belt  force  consisted  of  2  foremen,  1  engineman,  1  fireman, 
3  carpenters,  12  pidkmen  and  slopers,  1  dumpman,  1  beltman  and  1 
oilman. 

The  granulator  force  consisted  of  1  foreman,  1  engineman,  2 
laborers,  1  leverman  and  1  hopperman. 

The.  shovel  force  consisted  of  1  shovel  engineman,  1  trainman, 
1  fireman  and  2  pitmen. 

The  general  force  consisted  of  1  coal  passer,  and  1  coal  cart  and 
driver. 

Mr.  Schnable,  in  the  Journal  Association  of  Engineering  So- 
cieties, June,  1895,  gives  the  output  of  this  machine  as  follows: 

From  May  until  SeptembeJ  was  consumed  in  installing  plant. 
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excavating  a  pit  and  in  loading  the  belt  by  manuallabor  as  well 
as  in  experimenting.  In  October,  77  cu.  yd.  were  excavated  per 
day.  In  November  920  cu.  yd.,  in  December  313  cu.  yd.,  and  in 
January  319  cu.  yd^  The  cold  and  numerous  breakdowns  re- 
duced the  output  for  December'  and  January.  Mr.  Lewis  puts  the 
possible  maximum  output  pervlO  hr.  day  of  this  plant  as  1,200  cu. 
yd.  Mr.  Schnable's  paper  gives  the  general  design  of  this  con- 
veyor.    This  belt  conveyor  plant  was  not  Very  successful. 

N.'  Y.  State,  Barge  Canal  Work.  Engineering  and  Contracting, 
Sept.  28,  1910,  gives  an  outline  of  the  work  and  costs  of  handling 
material  with  five  machines  on  Contract  42  of  the  New  York 
Barge  Canal.  The  work  was  done  in  April,  1909,  on  lock  20  and 
8.96  miles  of  canal. 

The  material  handled  consists  largely  of  black  gumbo  (clay), 
there  being  little  Or  no  rock  on  the  entire:,  contract.'  Work  was 
commenced  in  the  summer  of  1909  at  the  western  end  of  the  con- 
tract. At  this  point  three  New  Era  graders,  36  wagons  and  slip 
scrapers,  and  68  head  of  mules  were  employed.  The  erection  of 
the  larger  machines  was  soon  put  imder  way  and  by  spring  of 
1910  all  the  machines,  of  which  costs  are  herein  given,  were  work- 
ing. These  machines  consist  of  one  Heyworth-Newman  dragline 
excavator,  two  electrically  driven  Lidgerwood  dragline  machines, 
a  Field  tower  operating  a  drag  bucket,  and  a  12-in.  hydraulic 
dredge.  All  machines  were  operated  with  three  shifts  of  8  hr. 
each.  The  Lidgerwood  machines,  however,  were  working  at  a 
disadvantage  as  they  were  moving  to  new  points  during  this 
month,  and  the  amount  of  excavation 'shown  for  them  is  merely 
that  skimmed  off  the  surface  while  moving. 

The  following  data  show  the  costs  of  excavation  per  cubic  yard 
for  the  month  of  April,  1910.  These  costs  include  labor,  repairs 
and  distribution  of  field  office  expenses: 

Heyworth-Newman  Excavator,  100-lt.  Boom;  2%  Yd.  Bucket: 

1  operator i      4.00 

1  loi  email 2.00 

5  laborers    7.50 

1  foreman,  average  $85  per  mo 2.83 

1  pumpman     1.50 

1  oiler    , 2.00 

1  team  1  shift  a  day   4.50 

Total  cuj  yd.  for  April  23,192 

Total  cost  for  April  $1,983.84 

Total  cost  per  cu.  yd $     0.085 

Hydraulic  Dredge   "Mohawk,"   12-in.  suction: 

1  captain,    per   month    ,. $   150.00 

3  enginemen,   per  month   75.00 

3  levermen,   per  month   ^....^ 110.00 

1  mate^  pbr   month .'7..  120.00 

6  deckhands,  per  day  \ .2.00 
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8  foremen,  per  day $      ?.Ofl 

8  laborers  or  pipemeu,  per  day '..'...  1.60 

Total  cu.  yd.  excavated 15,657 

Total    cost $1,726.30 

Cost  per  cu.  yd JD.IU 

Two  Lidgerwood  Excavators,  Electrically  Operated,  with  25- 
hp.  Motor  for  Swinging  and  l26-hp.  Motor  for  Hoist; 
2%-Td.  Page  Bucket: 

1  operator,    per   day    , $     ,4.00, 

1  oiler;    per   day 2.00 

5  laborers,  per  day 1.50" 

1  sloper,  per  day    2.25 

1  foreman,  $85  per  mo 2.83 

1  electrician,   $125  per  mo , 4.17 

Total  cu.  yd.  excavated  Macb.  No.  1  : 2,271 

-V  Total  cost $1,667.80 

Cost  per  cu.  yd.   ....'. .'..;V $     0.735 

Total  cu.  yd.  excavated  by  Machine  No.  2 2,583 

Total  cost    $    992.30 

Cost  per  cu.  yd $     0.384 

The  two  Lidgerwood  machines  worked  only  part  of  the  time  dur- 
ing this  month,  No.  1  working  13  days  and  No.  2  working  10  days 
during  the  month.  As  mentioned  above  both  were  engaged  in 
moving  to  new  positions  and  were  working  at  a  disadvantage. 
The  yardage  for  these  machines  should  be  about  the  same  as  for  a 
Heyworth-Newman  machine  under  similar  conditions.  The  dif- 
ference in  daily  pay  roll  is,  however,  in  favor  of  the  electrically 
driven  machine. 

The  electric  power  on  these  machines  costs  about  1  ct.  per  cu. 
yd.  City  current  is  used  and  a  transformer  ia  placed  at  con- 
venient points  along  the  line,  as  the  machine  moves  ahead. 

The  repairs  on  the  Heyworth  machine  have  averaged,  approx- 
imately, $400  per  month.  The  highest  amount  charged  to  repairs 
for  any  one  month  is  $ft67. 

The  Field  Tower  Scraper  is  a  new  machine  for  this  class  of 
work  and  is  one  of  the  evolutions  of  the  work  on  the  Barge  Canal. 
It  Consists  of  a  movable  tower,  located  on  one  side  of  the  canal 
with  a  cable  running  from  it  to  an  anchorage  on  the  opposite  side^ 
of  the  canal.  The  drag  bucket  is  supported  by  and  slides  up  and 
down  this  cable.  It  is  pulled  back  and  forth  by  an  endless  line. 
The  cre\y  and  costs  are  as  follows  per  day: 

loperator    »       "0 

'   i       1  fireman,  $75  per  mo ^ ■■■•  fj" 

1  foreman  or  superintendent,  $200  per  mo o.o7 

1  pumpman ■ J-™ 

6  laborers    at    ..-■ .^^ 

Total  cu.  yd.  excavated   lo.uoj 

Total  cost   F'*nifi 

Cost  per   cu.   yd *     0"»» 

This  tower  is  85  ft.  high  and  operates  a  l%-cu!-yd.  bucket 
with  a  10xl2-in.  hoisting  engine  and  40-hp.  boiler.     This  ma- 
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cliine  is  becoming  quite  popular  along  the  canal  because  of  its 
^  adaptability  and  its  moderate  cost. 

Bridge  Conveyor  Excavator.  This  machine,  used  on  contract 
No.  6  of  the  New  York  State  Baige  Canal,  is  described  in  Engi- 
neering and  Oontracting,  Nov.  23,  1910.  This  excavator  was 
erected  in  1907  by  the  Pittsburg  Steel  Construction  Co.  Com- 
pletely; equipped  it  cost  $105,000.  The  conveyor,  Fig.  33,  consists 
of  a  two-truss  "bridge"  supported  by  two  steel  towers  and  having 
a  cantilever  arm  extending  beyond  the  towers  over  the  spoil  banks 
on  each  side.  The  bottom  chords  of  the  "  bridge "  carry  the 
trucli  on  which  the  bucket  trolley  moves.  The  towers  are  90  ft. 
high  and  each  rests  on  a  "  car "  consisting'  of  a  framework  of 
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Fig.  33.     Bridge  Conveyor  Excavator  on  New  York  State 
Barge  Canal. 


steel  girders  riding  on  32  car  wheels.  The  wheel  base  of  these 
ears  is  36  ft.,  and  the  cars  run  on  structural  gage  tracks,  one  on 
each  side  of  the  canal.  One  tower,  that  adjacent  to  the  shorter 
cantilever  arm,  is  rigidly  attached  to  the  ear  fra;me.  The^  oppo- 
site tower  rests  on  its  car  frame  on  two  sets  of  roller  bearings. 
One  set  of  roller  bearings  permits  the  tower  to  move  across  the 
car  in  the  line  of  the  axis  of  the  ■"  bridge  " ;  the  other  setipermits 
the  tower  to  swing  on  an  arc  lengthwise  of  the  caj  or  at  right 
angle  to  the-  axis  of  the  bridge.  The  first  set  of  roller  bearings 
permits  a  obtain  variation  in  distance  between  the  cars,  and  the 
second  set  permits  one  end  of  the  bridge  to  be  "  swung  "  ahead 
of  the  other  when  occasion  demands..  The  total  amount  of  this 
swing  is  an  arc  of  17°.  ' 
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The  cantilever  arms  differ  in  length,  that  adjacent  to  the  fixed 
tower  being  96  ft.  span  and  the  opposite  one  being  128  ft.  span. 
The  reason  for  this  design  was  that  the  original  plans  called  for 
the  earth  to  be  wasted  on  one  bank  and  the  rock  on  the  opposite 
bank.  The  ratio  between  the  lengths  of  the  cantilevers  is  the  ra- 
tio between  the  widths  of  spoil  banks  as  figured  on  the  engineers' 
estimates  of  the  amounts  of  earth  and  of  rock  excavation.  The 
longer  arm  was  to  provide  for  ^the  larger  rock  spoil  bank.  It 
may  be  noted  here  that  this  original  plan  for  the  separation  of 
the  earth  and .  the  rock  spoil  has  not  proved  to  be  completely 
practicable  and  has  been  only  partially  accomplished. 

The  operating  mechanism  consists  first  qf'  the  mechanism  for 
operating  and  controlling  the  excavating  bucket,  and  second  Of  the 
mechanism  for  moving  the  conveyor  along  the  work.  All  this 
mechanism  is  operated  by  electric  power.  A  service  transmission 
line  along  the  canal  brings  current  at  4,100  volts  a.  c^  from  the 
plant  of  the  Rochester  Railway  &  Light  Co.,  to  a  transformer  car 
attached  to  one  of  the  towers  and  traveling  with  the ,  conveyor. 
At  this  point  the  4,100-volt  alternating  current  is  transformed  to 
260-volt  direct  current  and  led  to  the  various  operating  motors. 
One  set  of  feeders  passes  up  the  tower  to  a  set  of  contact  rails 
suspended  from  the  lower  chords  of  the  bridge.  From  these  rails 
dt  is  taken  by  contact  shoes  on  the  trolley  and  conveyed  to  a 
switchboard  and  controllers  in  the  trolley  cab.  Another  set  of 
feeders  runs  to  four  30-hp.  motors  which  move  the  conveyor  along 
the  work.  These  motors  are  geared  to  drums  carrying  cables  the 
ends  of  which  are  led  ahead  to  deadmen  on  opposite  banks  of  the 
canal.  To  control  the  travel  of  the  convey6r  there  is  an- electric 
brake  on  each  car;  these  brakes  are  applied  automatically  when 
the  current  is  shut  off  from  the  motors. 

The  trolley  is  pro'pelled  back  and  forth  along  the  "bridge "  by 
two  60-hp.  motors,  and  a  round  trip  from  the  middle  of  the  "bridge 
to  either  end  and  return  requires .  about  1%  minutes  including  the 
time  for  dumping  the  bucket.  An  air  brake  is, arranged  to  stop 
the  trolley  at  any  desired_  point  and  there  is  also  an  electric 
emergency  brake  to  preYent,  over-running  in  case  of  failure  of  the 
air  brake.  Air  for  this  brake  and  also  for  the  brakes  on  the 
hoist,  which  are  mentioned  later,  is  supplied  by  a  small  electrically 
driven  compressor  located  on  the  trolley. 

The  bucket  is  of  the  clam-shell  type  and  is  operated  by  two 
pairs  of  cables,  one  for  opening  and  one  for  closing  the  jaws. 
Each  pair  of  cables  is  wound  on  a  separate  drum  and  each  drum 
is  operated  by,  two  80-hp.  motors.  Tp  lower  the.  bijcket  the  clos- 
ing cables  are  run  slack  and  the  opening  cables  sustain  the 
bucket  until  it  touches  the  ground  when  the  opening  cables  are 
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also  slacked  off  to  permit  the  ja\ys  to  bury  themselves  in  the  spoil. 
As  soon  as  the  bucket  is  buried,  the  closing  cables  are  hauled  in 
to  close  the  jaws  and  then  both  pairs  of  cables,  opening  and 
closing,  are  operated  to  hoist  the  bucket  and  its  load.  The  com- 
,  bined  power  of  all  four  motors,  or  320-hp.,  is  thus  available  for 
hoisting.  The  controllers  for  the  bucket  operating  drums  are 
,  inter-connected  with  air  brakes  so  that  as  soon  as  power  is  thrown 
off  the  drums  are  locked  fast  and  the  bucket  can  be  lowered  only 
at  will. 

The  bucket  weighs  9  tons  and  has  a  nominal  capacity  of  8  eu. 
yd.     The  actual  load  grasped,  however,  averages  more  nearly  3 
,  cu,  yd.    A  single  operator  in  the  trolley  cab  controls  all  move- 
ments except  that  o'f  pulling  the  conveyor  ahead  which  is  directed^ 
from  a  cab  in  one  of  the  towers  by  the  oiler. 

The  conveyor  requires  nominally  three  men,  an  operator,  an , 
, oiler  and  an  electrician.     The  full  crew  working  is  larger,'  and 
the  total  wage  charge  pel  8-hr.  day  includes  the  following  items: 

1  operator    '....:... ■ $6.00 

,1  1  -electrician    4.00 

1  oiler     3.25 

~  2  to  5  laborers  at  $1.50  and  $1.60  $3.00  to  8.00 

1  team    4.00 

1  watchman     2.00 

Bookkeeper,  part  time  at   $125  per  mo. 

Timekeeper,  part  time  at  80  per  mo. 

Superintendent,  part '  time  at  250  per  mo. 

The  records  of  operation  of  the  conveyor,  which  have  "been 
secured,  cover  the  work  of  the  calendar  years  1908  and  1909. 
During  this  period  the  machine  was  laid  up  an  aggregate  of  about 
two  months  because  of  repairs  due  to  a  fire  and  to  the  breaking 
of  the  bucket.    • 

The  cost  of  removing  earth  and  rock  were  not  kept  separate. 
.  In  24  months  510,406  cu.  yd.  of  rock  and  39,721  cu.  yd.  of  earth 
were  removed  at  the  following  cost  per  cu.  yd. 

Eepairs    $'0.0400 

Electric    power    .....; 0.0484 

Drilling 0.0212 

Blasting     0.0715 

Eemoval  of  spoil 0.3091 

Total  per  cu.  yd.   $0.4902 

This  cost  does  not  include  interest  or  depreciation. 

It"  will  be  noted  that  practically  all  the  excavation  was  rock. 
Since  1  cu.  yd.  of  solid  rock  makes  about  1.7  cu.  yd.  of  broken 
rock,  if  we  divide  the  40  ct.  cost  of  "  removal  of  spoil "  and  "  re- 
pairs "  and  power  by  1.7  we  get  about  24  ct.  as  the  cost  of  load- 
ing and  conveying  a  cubic  yard  of  loose  material,  which  would 
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be  about  the  cost  of  handling  earth  with  this  bridge  conveyor, 
exclusive  of  interest  and  depreciation. 

During  the  24  months  the  conveyor  handled  510,000  cu.  yd. 
of  solid  rock  (equivalent  to  about  860,000  cu.  yd.' of  earth)  and 
about  40,000  cu.  yd.  of  earth.  Hence  it  would  have  handled  900,- 
000  cu.  yd.  of  earth  in  24  months,  or  37,500  cu.  yd.  per  month. 

Costs  on  the  N.  Y.  Barge  Canal.  In  a  paper  presented  before 
the  Philadelphia  Engineers'  Club  and  published  in  the  July  Pro- 
ceedings, 1911,  Wm.  B.  Landreth,  former  Special  Deputy  State 
Engineer  in  direct  chatge  Of  the  Barge  Canal  construction,  pre- " 
Sented  data  showing  the  contract  prices  of  barge  canal  construc- 
tion covering  several  years.  These  prices  are  for  the  larger 
items  of  contract  work  and  show  large  variations  in  prices  ;bid 
for  various  classes  of  work.  The  first  contracts  were  let  in  1905, 
and  bids  have  been  received  several  times  every  year  since  that 
date.  This  period  covers  at  least  one  rather  severe  financial  de- 
pression and  two  periods  of  increased  cost  of  work. 

But  one  unit  price  is  paid  for  excavation  as  there'  is  no  classi- 
fication of  the  material  excavated. 

The  actual  cost  to  the  contractors  as  shown  in  the  cost  data 
records,  including  depreciation,  interest  and  overhead '  charges, 
has  been  as  follows  per  cu.  yd.: 

EARTH  EXCAVATION 

By  hydraulic  dredge    from  $0.05  to  $0.16 

By  dipper  dredge from  0.13  to  0.30 

By   ladder   dredge    :• from  0.15  to  0.25 

By   clamshell   dredge    from  0.09  to  0.15 

By  revolving  excavator  and  scraper  bucket. from  0.05  to  0.28 

By  towers  and  scraper  buckets from  0.11  to  0.30 

By  steam  shovel from  0.10  to  0.40 

By    graders    from  0.14  to  0.30 

By  hand  and  team   from  0.14  to  0.60 

ROCK  EXCAVATION 

Dry  rock  by  steam  shovel   from  $0.30  to  $0.75 

Dry  rock  by  hand  and  derrick   $2.00  (average) 

Wet  rock   '. from  $1.00  to  $2.25 

Channeling  has  cost  from  22  ct.  to  38  et.  per  sq.  ft.,  dbpending 
on  the  character  of  the  rock,  the  rock  channeled  having  varied 
from  soft,  badly  broken  shale  and  slate  to  hard  limestone. 

Scraper  Boat  for  Sloping  Canal  Banks.  A  machine  for  sloping 
the  banks  of  the  New  York  State  barge  canal  to  any  required 
grade  was  devised  by  A.  S.  Robinson  and  described  in  Engineering 
Record,  May  23,  1914.  It  consisted  of  two  scows  joined  together 
but  separated  so  as  to  leave  a  well  between  them  ( Fig.  34 ) .  In 
this  well  was  the  base  of  two  triangular  cantilever  trusses.  These 
trusses  supported  a  track  on  which  a  1-yd.  drag-line  bucket  bper- 
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ated.  This  bucket  had  a  lateral  movement  of  30  ft.  for  one -set- 
ting of  the  boat.  Tlie  cutting  edge  of  the  bucket  scraped  ithe  soil 
downward  into  the  water  where  a  curvature  of  the  track  caused 
the  bucket  to  tip  and  dump  its  load.  The  bottom  of  the  canal  was 
previously  excavated  by  suction  dredges  to  a  depth  sufficient  to 
receive  this  material.     Ihe  back  of  the  bucket  had  two  flap  valves 


Fig.  35.    Details  of  Bank  Sloping  Dredge. 


opening  inward  for  the  purpose  of  permitting  water  to  enter  and 
wash  out  the  bucket  on  its  return  trip. 

.  Another  boat  for  shaping  canial  banks  is  described  ia. Engine^fF 
ing  and  Contracting,  Nov.  9,  1910.  It  consists  of  a;  derrick'  set 
on  one  of  two  barges  which  are  each  171^x75  ft.  and  fastened 
parallel  to  each  other  with  a  10  ft.  space  between.  (See  Fig.  354 
The  engine  for  bperating  the  derrick  and  bucket  is  set  on  the 
second  barge  opposite  to  the  location  of  the  derrick..   The  der- 
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rick  is  equipped  with  Terry  &  Tench  fittings.  The  dimensions  are 
indicated  on  the  drawing,  which  shows  the  method  of  operating 
the  bucket.  The  bucket  (Fig.  36)  digs  with  an  upward  motion, 
being  pulled  by  the  line  attache'^  to  the  cutting  end.  Two  lines 
are  fastened  to  the  rear  of  the  bucket,  one  of  which  •runs  over 
a  sheave  in  the  end  of  the'  boom  and  is  used  to  dump  the  bucket. 
The  other  runs  directly  from  the  back  of  the  bucket  through  a 
sheave  at  the  base  of  the  mast  and  is  used  to  haul  the  bucket  back. 
The  lines  are  operated  by  an  10xl2-in.,  double  drum,  Lidger- 
wood  engine.  Two  other  engines,  each  6  x  10  in.,  located  near  the 
bow,  are  used  respectively  to  operate  the  lines  connecteid  to  dead- 
men  up  and  down  stream,  and  to  operate  the  spuds.  One  operator, 
a  fireman  and  five  men  constitute  the  usual  crew  on  this  machine. 
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Fig.  36.     Bucket  for  Bank  Sloping  Dredge. 


The  work  done  varies  according  to  the  amount  of  material  to  he 
trimmed  off.  The  machine  has  trimmed  from  50  to  400  lin.  ft.  of 
bank  per  day  of  8  hr. 

Templets  are  set  at  various  intervals  (about  25  ft.)  along  the 
banks,  indicating  the  correct  slope  and  the  grade  to  which  the 
operator  works.  The  slope  is  produced  by  holding  the  boom  at 
a  certain  angle  with  the  horizontal,  which  once  having  been  found 
by  the  "  cut  and  try  "  method,  generally  need  not  be  changed  while 
digging  the  one  class  of  material.  This  "  sloper  "  was  designed 
by  George  E.  Field. 

There  were  20,000  ft.  B.M.  in  the  derrick,  trusses  and  housing, 
exclusive  of  the  lumber  in  the  scows. 

Cost  of  Steam  Shovel  Work,  North  Shore  Channel,  Chicago. 
Engineering  and  Contracting,  Aug.  4,  1909,  gives  the  following 
costs  pf  work  on  Section  1  pf  tTie  North  Shore  Channel  of  the 
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Sanitary  District,  Chicago.  This  section  comprises  the  pumping 
station  and  lock,  the  crib  work  piers  protecting  the  intake,  the 
lock  and  3,350  ft.  of  channel.  The  work  was  done  by  the  Sani- 
tary District  on  force  account. 

The  top  10  ft.  of  channel  excavation  consisted  of  a  clay  which 
could  readily  be  dumped  from  dump  cars,  but  below  this  the  clay 
was  heavy  and  tenacious  and  came  in  large  lumps.  It  was  exca- 
vated by  a  70-ton  Vulcan  steam  shovel  with  a  3-cu.  yd.  dipper. 
The  steam  shovel  loaded  into  Wes,tern  3-eu.  yd.  dump  cars  which 
were  handled  by  Davenport  locomotives  out  of  the  cut  and  onto 
the  crib  piers  behind  which  the  spoil  was  dumped.  These  cars 
were  dumped  in  the  usual  way  until  the  sticky  clay  was  met, 
then  they  would  not  dump  properly.  A  derrick  was  then  ar- 
ranged to  do  the  dumping.  A  sling  was  devised  which  would 
hook  into  and  lift  the  car  body  from  the  trucks  and  by  winding 
up  on  the  engine  would  tilt  the  body  and  empty  it. 

The  cost  of  excavation,  as  kept  by  the  engineers,  was  as  fol- 
lows for  1908,  when  194,280  cu.  yd.  were  excavated:  An' 8-hr. 
day  was  worked  and  the  wages  ^paid  were  as  follows : 

Men  on  dump  per  day  $1.50 

Men  around  shovel  per  day   '• l.VS 

Steam  shovel  engiriemen  per  month  125  to  150 

Steam  shovel  cranemen  per  month  90 

The  value  of  the  excavating  plant  was  $16,035,  and  the  as- 
sumed depreciation  chargeable  to  Section  1  was  $16,035  X  50% 
=  $8,017. 

The  cost  of  excavation  (194,280  cu.  yd.)  in  1908  was  as  fol- 
lows per  cu.  yd.; 


Materials:  Total  Per  Ou.  Yd. 

Operation $8,639  $0,044 

BepaiTs    and   plant    '.io" 


0.036 


Total  materials    $15,795  $0,081 


Labor : 

Operation     •    J32,241  $0,166 

Repairs   and   plant    3,295  ^SA& 

Total   labor    |35,536  $0,182 

Grand    totals    $51,331  $0.-!b4 

The  items  making  up  these  totals  were  as  follows: 

Materials:                    Operation          Eep.  &Plnt.  Total 

Shovel $1,208                     $1,502  $2,710 

'  ?;sr..::;::::::    2          i;^|  ^1 

Dump     259                            0  259 
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:  Uaief iaiB :     -      -        ,  Operation  Rep.  &  Plntj  ,          Total,  j  ■ 

Cars    $   216  Jl.SdS  $  2,0^S  ' 

Coal     6,066  0  6,0«B' 

Office     0  360  360 

Insurance     0  0  '(} 

General    136  61  197 


Totals     $8,658  J7,156  $15,795 

Labor :  ' '                 ' ' 

Shovel    $8,728  $   820  $9,548 

Dinkeys 5,876  359  6,265 

Track     5,951  0  5,951 

Dump      :...  9,W6  0  9,146 

Cars     34  1,975  2,009 

Coal     585  0  585 

Office 0  8  8 

Insurance      606  0.  ,                  606 

General     1,315     '  103  '               1,418 


Totals    , $32,241                     $3,295  $35,536    : 

The  costs  of  operation  in,  excavation  were  distributed  as  fol- 
lows: .. 

Steam  Shovel:  Total 

Labor    .' $8,880 

.Coal      .-. 3,326 

Supplies :... 1.208 

.      .General    ....;;.. ii;.;. 639 

Totals $13,953 

Per   cu.    yd 0.072 

,.         Transportation: 

Labor $6,023 

Coal     .■ 3,326 

I           .          Supiplies  . ; 1,003 

General     ...■■ 182 


Totals $10,534 

Per   ou.    yd 0.054 

\ 
Tr^ck: 

Labor     ..'.; $6,102 

jGeneral  and  supplies    190 

Totals $6,292 

Per  cu.  yd 0.032 

Dump :  ' 

:Labor     ......'...'.'. $  9,298 

-Supplies     .: ,.,, 259 

■        'General     ; , 539 


-Totals    $10,094 

Per  oil.  yd » 0.051.:  r 

Grand  totals    $40,873 

Per  cu.  yd. 0.209 

The  costs  of  repair  and  plant  charges  were  distributed  as  fol- 
lows : 
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Steam  Shovel:  TotH,  ! 

Labor J   280 

Materials     1,502 

General    : 177 

Totals    J2,499 

Per  cu.  yd 0.006 

Transportation : 

Labor    $2,364 

Material     ^. .....;... 3,011 

General     177 

Totals      ....: J5,B52 

Per  6u.  yd ._ 0.014  ' 

Track: 

Materials |2,222 

General i 177 

Totals J2,399 

Grand    totals    $10,460 

Per  cu.  yd 0.027 

In  figuring  the  net  costs  of  repairs  and  plant  charges  the  total 
estimated  amount  of  excavation  on  the  section,'  oi-  390,000  cu. 
yd.,  has  been  used  as  the  divisor.  The  reason  for  this  is  that  the^ 
repair  and  plant  charges  itemized  were  all  that  were  necessary  to 
put  the  plant  in  shape  to  complete  the  work.  Summariziilg  we 
have;  ^ 

Operation ,,. $0,2095 

Repair  and  plant  charges ,.■■■..'. 0^0266 

Depreciation   on  plant    ^ ' 0.Q205 

Total  per  cu.  yd $0.2566 

Cost  with  Dragline  Excavators  on  North  Shore  Channel,  Chi- 
cago. Sections  4  and  5  of  the  North  Shore  Channel,  Chicago, 
were  dug  under  contract.  The  top-soil  on  both  these  sections  was 
excavated  with  teams  and  drag  scrapers,  rfl  this  way  47,000  cu. 
yd.  were  removed  from  section  4,  and  21,000  cu.  yd.  from  section 
5.  The  balance  of  the  cut  was  made  with  Hey  worth-Newman 
driagline  excavators,  one  machine  working  on  eaish  section.  En- 
gineering and  Contracting,  Apr.  27,  1910,  gives  the  following  dat;a 
on  their  operation.  Oh  section  4,  from  Sept.,  1908,  to  Dec,  1909, 
inclusive,  499,062  cu.  yd.  were  removed,  or  an  average  of  31,191 
cu.  yd.  per  moiith.  On  section  5  201,712  cu.  yd.  were  moved  from 
May  to  Dec,  1908,  inclusive,  an  average  of  25,214  cu.  yd.  per 
month. 

All  estimate  of  the  cost  of  labor  for  one  machine  is  as  follows: 
No  consideration  is  taken  of  interest  ■  on  contractors'  bond,  in- 
surance, or  of  general  ofHce  expense.  The  work  is  divided  into 
three  shifts  of  8  hr.  each  for  the  operators,  and  two  shifts  of  .12 
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hr.  each  for  the  balance  of  the  crew.  The  work  is  carried  on  6 
days  a  week  or  25  days  a  month.  The  figures  were  obtained  by 
the  editor  while  going  over  the  work  and  are  given  according  to 
the  information  furnished  him.  He  believes,  however,  that  the 
crew  given  for  each  machine  is  too  large.  It  would  be  more 
nearly  correct  to  eliminate  the  items  of  mechanic,  blacksmith's 
helper  and  oiler;  and  to  divide  the  blacksmith's  time  between 
three  machines.     The  monthly  payroll  was: 

12  laborers  at  20  ct.  per  hr %   720.00 

3  operators   at  $1S0   : 450.00 

2  firemen  at  $90  ; 180.00 

1  man  and  team 125.p0 

1  supt.  to  2  machines  at  $200  per  month  100:00 

1  civil  engineer  and  timekeeper,  $125  —  2  machines.  67.50 

1  mechanic,   3  machines  at  |150 50.00 

1  blacksmith     90.00 

1  blacksmith's   helper    50.00 

loiter    60.00 

Total  per  month   $1,892.50 

Using  31,191  cu.  yd.  excavated  for  Section  4  and  25,214  cu.  yd. 
excavated  iov  Section  5,  the  costs  per  cubic  yard  are  estimated  as 
follows: 

■ '  '  .  i ,  •  i  ■,      ,        Section  4  ^  ,     ,      ,    , 

Labor '. $0.061 , 

3  tons  coal  per  24-hr.  day  0.010 

.  Repairs  and  miscellaneous  supplies   0.048 

.  15%  annual  interest  on  $15,000  plant  0.006 

,  50%  annual  depreciation  on  $15,000  plant  0.020 

Total  per  cu.   yd $0,145 

Section  5 

Labor    ....;,* $0,076, 

3  tons  coal  per  day   , 0.012 

Repairs  and  miscellaneous  supplies 0.059 

'15%  annual  interest~on  $15,000  plant   .. .-. 0.007 

50%  annual  depreciation  on  $15,000  plant  , 0.030 

Total  per  cu.  yd $0,184 

The  labor  item  includes  all  work  done,  such  as  repairs,  mov- 
ing machine,  and  actual  excavation. 

'  The  "repair  and  miscellaneous  supplies"  item  is  large.  It 
contains  new  cable,  oil,  renewals  and  2  miles  of  27in.  pipe  to  sup- 
ply water  to  the  boilers.  The  strains  and  work  demanded  of 
large  dragline  machines  are  heavier  than  steam  shovels.  The 
average  repair  and  maintenance  bill  has  been  $1,500  per  month 
for  two  excavators. 

The  annual  interest  and  depreciation  charges  are  estimated  high 
in  order  to  make  allowance  for  periods  of  idleness  when  no  con- 
tract Is  underway.  , 
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Tower  Dragline  Excavator  on  North  Shore  Canal,  Chicago. 
A  machine  invented  by  J.  T.  Fanning,  which  is  said  to  have 
worked  very  close  to  required  lines,  cutting  less  than  li^  cu.  yd. 
of  excess  material  per  lin.  ft.  of  canal,  is  described  in  Engineer- 
itig  and  Contracting,  Jan.  18,  1911.  - 

Fig.  37  shows  the  principles  upon  which  the  machine  operates. 
There  are  two  towers  and  two  buckets.  In  each  tower  is  located 
a  double  drum  engine  which  operates  one  of  the  buckets.  The 
booms,  which  extend  on  an  incline  to  the  rear  of  the  tower  and 
over  the  spoil  bank,  are  also  offset  horizontally  from  the  center 
lines  of  the  towers.     This  can  better  be  understood  by  reference 


>Fig.  37.    Method  of  Operation  of  Double  Bucket  Tower  Excavator. 


to  the  plan.  The  boom  on  one  tower  is  offset  to  one  side  of  the 
center  line  which  runs  between  the  two  towers,  and  the  boom  on 
the  other  tower  is  oflFset  to  the  opposite  side  of  this  center  line. 
In  this  way  a  straight  line  from  the  apex  of  one  tower  to  the 
end  of  the  boom  of  the  opposite  tower,  shows  a  clear  working  line 
for  the  bucket.  A  similar  condition  is  presented  for  another 
bucket  to  work  in  the  opposite  direction. 

Each  bucket  is  operated  by  two  lines.  The  drag  or  digging  line 
is  run  from  the  small  drimx  of  the  double  drum  engine,  to  the 
bucket  which  digs  downwardly  on  the  opposite  bank  pf  the  canal. 
The  bucket  is  dragged  down  the  slope,  with  its  other  line  slack, 
and  takes  its  load.  The  other  line  of  load  line  runs  from  the 
large  drum  on  the  engine  up  over  a  pulley  near  the  apex  of  the 
tower,  then  out  over  another  stationary  pulley  which  is  sus- 
pended from  a  cable  placed  between  the  two  towers,  down  through 
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a  sheaye  aittached  to  the  bale  off  the  bueketj  and  out  ta  the.  gnd 
of  the. boom  on' the i  opposite  toWer.'  By  winding  in;  on  fthig  liiie 
i,nd  holding  the  dragline,  the  bucket  is  raised  until,  by  slacking 
■the  dragline,  it  can  be  run  down  ,by  gravity  to  the  dump  pile  at 
the  end  of  the  bbom.  The  location  of  the  bucket  in  digging  wap 
controlled  partly  by  the  location  of  the  fixed  pulleys  siispenied 
above  the  canal  section.  The  positions,  of  these  w^re  changed 
"from  time  td  time  i  to  suit  the  requirements  of  the.  work. 
'  The.  bucket'  is  of'%-yd.  capacity,  and  is  arranged  so  that  a 
tripping  device,  near  the. end  of  the  boom  causes  the  bottom  of 
the  bucket  to  swing  loose  and  drop  the  load  on  the  spoil  bank. 

In  operation  the  skill  with  which  the  bucket^  is  handled  de- 
pends upon  the  experience  of  the  engineer.  The  work  is  always 
in  plain  view  of  the  operator, '  and  by  prgj)er  manipulation  of 
the  lines  the  slopes  may  be  carved  down  at  any  angle  desired. 
The  cojjstant  rubbing  of  the  buckets  down  the  slope  carjries  all 
loose , material  down  the  blank,  and  produces  a  compact  and  plane 
surface.  '         ; 

The  bucket  travels  very  easily  and  rapidly  out  to  the  end  of 
the  boom,  the  speed  being  controlled  by  the  angle  of  the  line 
on  which  .it  runs  and  by  the  dragline.  Some  speed  is  necessary 
to  enfable  the  bucket  to  throw"  out  its.  load.  The  speed  is  desir- 
able because  th^,  clay  'sticks  to  the  bucket. 

The  principal  disadvantage  comes  in  the  wear  of  the  dragline 
which  bears'  a'  Considerable  stjaiii  when  used  to  stop  the  bucket. 

The  material  excavated  is  clay.  ;  The  section  of  the  canal  mea- 
sures 26  Tt.  wide  at  the  base  with  slopes  .of  1  on  2.  The  aver- 
age, depth  of  the  canal  on  the  sections  which  this  machine  was 
■iised",  is  about  27%  ft.  The  country  through  which  the  canal 
runs  is  a  practically  level  plain. 

'  The  liiachine  wa;s  used  on  two  sections  of  the  North  Shore 
JDrainage  canal,  covering  a  period  of  two  years.  It  was  operated 
•10-hr.  per  day  with;  an  engineer  and  fireman  in  each  tower, 
'and  a  track,  gang  consisting"  of  about  5  men.  An  aveuage  of  12 
'men;  including  the  superintendent,  watchmen  and  all  labor,  was 
employed-.  The  maximum  yardage .  excavated,  during  one  month, 
was  in  June,  1910,  when  19,000  Cu.' yd.  were  excavated.  The  min- 
imuto'  yardage  for  a  complete  month  was  excavated  in  December, 
lt)08,  when  4,750  yd.  were  taken  out.  The  average  amount  of 
excavation  per  working  day  wa,s  between  500  and  600  cu.  yd. 
It  was  possible  for  each  bucket-  to  make  two  trips  per  minute, 
but  the  output  per  day  shows  that. each  bucket  averaged  less  than 
due  trip  per  minute.        .  .   , 

'The  new  machine,-  for  which  plans,  are  being  ipade,  will  be 
built  strb'nger  throughout,  and  a  larger  bucket  will  be  used. 
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Costs  of  Excavation  on  Colbert  Shoals  Canal,  Ala.  Charles  E. 
Bright,  in  Engineering  and  Contracting,  Oct.  18,  1911,  gives  the 
following :  \ 

Colbert  Shoals  Canal,  ■  which  was  designed  to  overcome  the 
obstructions  to  navigation  at  Colbert  and  Bee  Tree  Shoalfe,  is 
located  along  the  south,  or  Jeft  baiuk,  of .  the  [Tennessee  Kiver;  the 
lower  end  of  the  canal  being  about  one-half  mile  above  Riverton, 
Ala.  It  is  a  lateral  canal  8  miles  long,  with  a  lock  of  26-ft. 
lift,  80-ft.  width,  and  350-ft.  length,  located  at  the  lower  end. 
Beginning  at  the  upper  end  of  this  lock  and  extending  upstream 
for  a  distance  of  5.3  miles,  the  canal  was  excavated  through  the 
bottom  lands,  the  cutting  ranging  ip  depth  fronj  17  ft.  at  the 
lower  end, to:  20  ft.,  at  the  upper.  ,  .i.,. 

The  cross  section  of  the, canal  is  112  ft.,  wide  at  the  bottom 
or  at  grade,  with  side  slopes  of,  1  on  2.  Berms  15  ft.  wide,  be- 
tween slop  stakes  and  the  toe  of  spoil  banks,  were  left  on  both 
sides  of  the  canal,  the  berm  on  the  river  side  being  brought  to  a 
height  of  not  less  than  9.^  ft.  above  low  water  in  the  canal. 

Excavation  was  done  oij.  different  sections  of  the  canal  with 
wheel-scrapers,  elevating  grad,ers  pulled  with  traction  engines, 
dragline  excavators  and  ste^mi  shovels. ,  vi         ,  ,, 

The  elevating  graders  were  not  generally  successful.  Grass  and 
cornstalks ,  clogged  the  elevator  on  one  part  of  the  work  so  that  it 
was  necessary  to  strip  the  surface  with  wheel  scrapers. 

All  of  the  graders  used  were  what  is  termed  "  Standard  West- 
ern Elevating  Graders,"  with  21-ft.  elevator,  using  an  extra  heavy 
or  giant  railroad  plow  for  loosening  the  material  and  throwing 
it  on  the  elevator.  This  plow  was  attached  to  one  side  of  the 
frame  of  grader.  The  only  portion  of  the  canal  completely  ex- 
cavated to  grade  by  these  machines  was  from  Stations  10-20  to 
145-163,  which  proved  unprofitable  on  account  of  the  niaterial 
usually  becoming  too  hard  near  the  bottom  to  be  loosened  by  the 
plow.  The  height  to  which  the  material  had  to  be  lifted  in  get-' 
ting^  it  to  spoil  banks  was  too  great.  These  machines,  in  con- 
nection with  wheel  scrapers,  were  most  successfully  used  in  mak- 
ing a  cut  from  8  to  12  ft.  in  depth,  and  110  to  120  ft.  in  width, 
off  the  top.  This  left  a  strip  about  30  ft.  wide  inside  the  slope 
stakes  on  each  side^  for  the  drag  bucket  excavators,  to  work^'from 
in  taking  out  the  remainder  of  the  section.  This  arrangement 
gave  the  elevating  graders  the  soft  material  to  which  they  were 
best  adapted,  and,  at  the  same  time,  the  least -lift  in  conveying 
the  material  to  spoil  banks. 

The  steam  shovel  outfit  consisted  of  a  65-ton  Marion  shove], 
one  25-ton  and  one  20-ton  dinkey  locomotive,  and  eight : "  Oliver  " 
12-yd.,  side  dump  cars,  all  standard  gage;  with  about  1%  miles 
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of  track,  a  tank,  and  pipe  line  and  pump  for  supplying  water  to 
shovel  and  loconjotives. 

The  dragline  excavators  were  Armstrong  machines  equipped 
with  an  81-ft.  boom  and  a  2-cu.  yd.  Page  seraperfbucket.  The 
machine  was  moved  on.  skids  with  wooden  rollers. 

Quantities  Handled  and  Cost  by  Various  Methods 
>  Per.  Cn.  Yd.^ 

Wheelscrapers,  207,408  cu.  yd ; $0.20 

Graders,   917,138  ou.  yd 0.17 

Dragline,  889,267  cu.  jd 0.11 

Steam  shovel,  187,559  cu.  yd 0.28    , 

The  wheel-scrapers,  elevating  graders  and  steam  shovel  having 
removed  the  cream  of  the  excavation  in  most  instances,  the  drag- 
bucket  excavators  were  left  the  hard  material  which  was  mostly 
found  near  the  bottom,  besides  being  required  to  lift  the  material 
to  a  greater  height.  An  advantage  of  the  drag-bucket  excavators 
over  the  wheel-scrapers,  elevating  graders  and  steam  shovel,  was 
their  ability  to  work  successfully  in  pits  containing  from  2  to  3 
ft.  of  water,  and  the  fact  that  ordinary  rains  did  not  interfere 
with  their  output.  It  was  also  the  only  machine  on  which  two 
and  three  shifts  per  day  were  worked  profitably. 

The  daily  expenses  by  each  method  were  as  follows: 

Drag-Bucket  Excavators : 

3  enginemen  at  $260  per  month   $  8.66 

3  firemen  at  $2    : 6.00 

3  laborers  at  $1.50  4.B0 

1  master  mechanic  at  $125  per  month  4.16 

^  1  pump  man    ; 1.50 ,  ! 

1  blacksmith    .- 3.00 

1  foreman  at  $75  per  month   2.50 

1  coal  wagon  driver 2.00 

Total  per   day   $32.32 

Cost  for  each  of  3  machines   ■...      10.77 

Elevating  Graders: 

2  enginemen  at  $80  ($160)   $5.33 

2  firemen   at  $1.76    3.50 

16  teams    (four-horse)   at  $2.50   40.00 

1  water  wagon^  with  driver   2.0Q 

1  pump  man   1.50 

1  blacksmith    3.00 

1  helper    1.50 

1  foreman  at  $75  per  month  2.50 

Total  per  day   $59.33 

Cost  for  each  ,of  two  graders   29.66 

"Wheel  Scrapers: 

15  wheel  scrapers  at  $2 $30.00 

3  snap  teams  at  $2.25   '    6.75 

6  laborers  at  $1.75   8.75 

1  blacksmith    3.00 

1  helper    ; ..' .J.: 1.50 

1  foreman  at  $75  per  month  ik.i,i..;.<-. 2.50 

Total  per  day ..'.'.... $52.50 

Co^t  for  each  scraper  3.50 
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Steam  Shovel: 

1  foreman  at  $125  per  month  ^ $4,16 

1  shovel  engineman  at  $125  per  month 4.16 

1  craneman  at  $90  per  month • • 3^00 

1  shovel    fireman    Z'.OO  ' 

1  blacksmith    : ....; 3.00 

1  helper 1.50 

1  pump  man   ; 1.50 

1  coal   wagon    2.00 

2  dinkey  engineers  at  $2.00   , 4.00 

2  firemen   at  $1.50    • .' 3.00 

2  hrakemen  at  $1.50 3.00 

16  laborers  on  dump  at  $1.50   ■..,,..,...,. 24.00 

3  laborers  at  shovel   ' 4.50 

Total  per  day  $59.82 

Bibliography.  "Hand  Book  of  Construction  Plant,"  R.  T. 
Dana ;  "  Excavating  Mach,inery,"  A.  B.  McDaniel ;  "  Practical 
Farm  Drainage,"  C.  G.  Elliot ;  "  Irrigation  Engineering,"  Her- 
bert M.  Wilson ;  "  Irrigation  Engineers'  Hand  Book,"  Herbert  M. 
Wilson. 

Reports  of  the  Isthmian  Canal  Commission,  Panama  Canal. 

"  The  Soulanges  Canal  Works,  Canada,"  C.  R.  Coultee,  En- 
gineering News,  April  18,  1901 ;  "  Chicago  Drainage  Canal,"  series 
of  articles  in  Engineering  Record,  April  4,  1896,  to  April  17,  1897 ; 
"  Excavating  Methods  and  Equipment  on  Cape  Cod  Canal,"  En- 
gineering News,  Feb.  19,  1914;  "Bucket  Ladder  Excavators  on  the 
Spanish  Canal,  Alfons  XIII,  from  Seville  to  the  Atlantic,"  Engi- 
neering and  Contraeting,  Sept.  3,  1913. 


CHAPTER  XVIII 
HYDRAULIC  EXCAVATION  AND  SLUICING 

To  California  gold  miners  ancb  mining  engineers  the  world  is 
indebted  "for  the  developnient  of  the  cheapest,  means,  known  for 
moving,  earth;  Engineers  in  general  are  apparently  strangers  to 
the  great  economy,  of  the  hydraulic  method  of.  excavation,  or  if 
not  ignorant  of  its  economic  merits  as 'applied  in  California,  they 
hesitate  to  use  the  method  elsewhere.  However,  there  is  nothing 
mysteripiis  or  difficult  about  the  hydraulic  method  of  earth  exca- 
vation, nor  does  it  alvvays  require  so  great  an  ejtpenditure  for 
plant  as  to  put  it  beyond  the  reach  of  those  contemplating  exca- 
vE^tions  of  any  considerable  .size.  It ,  is  generally  assumed  that 
there  must  be  a  gravity  supply  of  water,  but  even  this  condition 
is,  no  essential  to,  economic  ,  excavation  and  transportation  of 
earth,  as  we  shall  presently  see.        ,      ' 

There  are  three  metliods  employed  in  sliiicing:  (1)  the  ground- 
sluice;    (2)   thp  "boom,"  and   (3)  the  hydraulic  giant. 

In  the  ground-slufce  method,  which. is  best  adapted  to  shallow 
brinks,  tlie,,eafth  is  shoveled  or  dumped  into  a  stream  of  water 
running  in  a  sluice.  In  this  method  the  water  is  used  to  convey 
thp;  material  and  not  to  lo,osen  iti 

A  "  boom  "  consists  of  a  temporary  dam  behind  which  the  water 
supply  is  allowed  to  acpiimulate  until  a  sufficient  amount  is 
stored.  The  water  is  then  allowed'  to  escape  with' a  rush,  th6 
stream  being  directed  agaiiist  the  foot'  of  the  bank  to  be  re- 
moved.    This  method  has  been  used  in  Colorado. 

Hydaulio  Giants.  A  giant  or  monitor  is  a  metal  tube  and 
nozzle  tip  so  fixed  to  a  pipe  by  flexible  joints  as  to  be  easily 
moved  horizontally  or  vertically.  The  tapering  nozzle  varies  in 
diameter  from  1  to  10  in.,  at  the  tip,  and  is  fitted  with  a  deflector 
attached  at  its  extremity  for  the  purpose  of  directing  the  stream 
to  the  desired  point  of  attack.     See  Fig.  1. 

Bed  Rock  Sluices.  In  opening  up  a  gold-bearing  gravel  bank 
for  hydraulic  sluicing  bed  rock  sluices  are  frequently  constructed. 
These  are  channels  cut  in  the  underlying  bed  rock  for  the  pur- 
pose of  conveying  the  material  to  the  outlet  pipe  or  sluice  or  to 
the  dump. 

The  grade  of  the  bed  rock  sluice  is  determined  by  the  contour 
of  the  ground,  the  quantity  of  water  available,  and  the  character 
of  the  material.  Sand  requires  a  heavy  grade  which  may  be  pav- 
tially  compensated  by  making  the  sluice  wide  and  shallow. 
Heavy  boulders  require  a  deep  narrow  sluice.  The  usual  grade 
is  6  in.  per  "  box "  of  12  ft.  in  length,  or  4.2%,  but  will  vary 
from  1  in.  to  12  in.  per  "box."  The  grade  should  increase  slightly 
towards  the  dump.     Curves  should  be  avoided  if  possible.     It  is 
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Bometimea  necessary  to  set  the  sluices  in  tunnels  but; open,  cut 
sluices  are  preferable.  ,,     ,, 

The  size  of  the  sluice  is  also  regulated  by  the  quantity  of 
water  used,  according  to  H.  A.  Brigham,  Journal-  of  ■  the  A-sso^^ 
dated  Engineering  Societies,  vol.  41,  1908.  For  washing  fine  ma- 
terial the  size  of  sluice  required  is  about  as  follows:  , 

Quaat^ity  qf  water 

Miner's  in. 

(1.6  cu.,ft.  per  sec.) 

200  to     600 

400  to  1,200 

1,000  to  2,500 

.    2,000  to  4,0QO 

3,000  to  5,000 

4,000  to  7,000 


•  ■».»^?ji»fa>.vy».  ^j»  .«Btg)witfi»tfi6ff°ftg«g<^!Sy^ge*:^i'  rtf-f 


ri^.   I.     "  Bouery's  "  Hydraulic -Giant. 

The  most  economic  method  of  constructing  bt'd  rock  sluices 
is  to  blast  the  material,  wash  out  the  debris  with  the  hydraulic 
giant,  and  line  the  sluice  if  nefcessary  with  tinfiber. 

The  Carrying  Capacity  of  Water.  To  the  engineer,  the  most 
important  data  relating  to  hydraulic  excavation  are"  results  of 
actual  practice  showing  the  number  of  cubic  yards  of  material 
excavated  by  a  cubic  foot  of  water.  The  most  complete  informa- 
tion on  this  subject  is  given  in  a  paper  on  "Hydraulic  Mining 
in  California,"  read  by  Mr.  A.,  J.  Bqwie,  Jr.,  in  1877,  before  the 
American  Institute  of  Mining  Engineers.  From  this  paper,  wJiich 
goes  into  great  detail,  I  have  condensed  and  tabulated,  the  ac- 
companying Table  II,  which  is  based  upon  actual  measurements 
and  is  reliable.  ,    ■  ,  ',' 

The  .total  yardage  was  2,275,967  cu.  yd.  gravel  moved  per 
1,533,728  miner's  inches  (2,159  cu.  ft.  each),  or  1.48  cu.  yd,, 
moved  per  miner's  inch,  which  isjequisfalent  to  about  1,440  cu.  ft. 
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of  water  per  cu.  yd.  of  gravel 5.  12,027  oz.  of  gold  worth  $231,893 
were  recovered,  the  average  yield  per  eu.  yd.  of  gravel  being  10.2 
ct. ;  554  lb.  of ,  quick-silver  were  lost.  The  average  cost  per  cu. 
yd.  of  gravel  moved  was : 

Water    ..'. J0.008 

Materials     010 

Labor    ." 0.036 

Office  and  general  expenses   006 

Total  per  cu.  yd , J0.060 

Two  shifts  were  worked  and  1,520  (24-hr.)  days  were  required 
to  move  the  two  and  a-quarter,  million  cubic  yards,  or  about  1,500 
cu.  yd.  per  24-hr.  day  per  plant. 

TABLE  I  — COST  OF  HYDRAULIC  EXCAVATION:  NORTH 
BLOOMFIBLD  —  CLAIM  NO.  8 

Year    1874-5  1875-6 

Cu.  yd.  gravel  1,858,000  2,919.700 

Height  of  bank,  ft 180  260 

Grade  o£  sluices,  in.  in  16  ft 6%  6% 

Labor  per  cu.  yd $0.0122  $0.0140 

Powder  per   cu.  yd 0032  .0053 

Materials  per  cu.  yd 0030  .0031 

General  expenses  per  cu.  yd .0022  ,0025 

Water,  per  cu.  yd .0077  .0074 

Total  per  cu.  yd $0.0203  $0.0323 

Cu.  yd.  of  gravely  per  miner's  inch 4.80  4.17 

Cu.  ft.  water  per  cu.  yd.  gravel  450  520 

The  foregoing  indicates  "about  the  maximum  cost  of  hydraulic 
excavation  on  a  large  scale,  for  the  banjcs  were  not  very  high, 
the  head  of  water  was  low,  and  the  flumes  were  laid  on  a  very 
gentle  grade  ^  all  of  which  factors  increase  the  consumption  of 
water,  as  is  well  shown  by  comparison  with  Table  II. 

Contrast  Table  II  with  the  following  data.  Table  III,  on  the 
North  Bloomfield  Mine  which  is  rearranged  from  a  table  given 
by  Mr.  Bowie.     Here  the  grade  of  the  sluices  is  9%  instead  of  2%. 

TABLE    III  — DATA    ON   NOETH    BLOOMFIELD    MINE 

■                                                   1874     ,    ,  1875  1876           1877 

Height   of  bank,    ft 100             100  200             265 

Grade  of  sluices,  in.  in  12  ft.          6^             6^4'  6%             6^ 

Cu.  yd  of  gravel 3,250,000    1,858,000  2,919,700  ,  ?,993,930 

Cu.  yd.  per  miner's,  inch  . .              4.6       ,       4.8  4.17            3  86 

Cu.  ft.  water  per  cii.  yd...             436             459  540             567 

Sluices  on  the  North  Bloomfield  Mine  were  6  ft.  wide  by  32 
in.  deep,  while  those  used  for  the  La  Grange  Mines  were  4  ft. 
wide  by  30  i'n.  deep. 

We   see   from  'Tables  I   to   III   that   the  cubic   feet  of  water 
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required  to  move  each  cubjc  yard  of  gravel  may  be  from  450  to 
2,000;  and  that  the  cost  of  labor  alone  may  be  1.25  to  4.25  ct. 
per  cu.  yd.  It  appears  that  ordinarily  about  1,000  cu.  ft.  of 
water  are  required  to  loosen  and  move  each  cubic  yard  of  gravel 
where  banks  are,  say,  30  ft.  high,  with  about  85-ft.  head  of-  water. 

As  illustrating  the  expense  to  which  certain  companies  have 
gone,  the  55  miles  of  main  ditch  of  the  North  Bloomfleld  Co.  may 
be  mentioned.  This  ditch  was  5  ft.  wide,  at  bottom,  3,5  ft.  deep, 
and  side  slopes  were  1.5  to  1.  The  grade  was  12  to  16  ft.  per 
mile,  and  the  delivery  3,200  miner's  inches,  or  about  6,900,000  cu. 
ft.  per  24  hr.  Ditches  with  grades  of  20  ft.  per  mile  and  de- 
livering 80  cu.  ft.  per  second  have'  been  built,  and  it  is  to  be'  noted 
that  gagings  show  albout  25%  less  discharge  than  open-channel 
formulas  wouM;  indicate.  Where  ravines  are  crossed,  timber 
flumes  4  ft.  wide  by  3  ft.  deep  laid  on  grad:es  of  30  td  35  ft. 
per  mile  are  used. 

The  sluices  into  which  the  loose  gravel'  and  water  are  run  are 
made  of  1.5-in.  plank,  tongued  and  grooved  about  3  ft.  wide  x  3  ft.  , 
deep ;  cross.-sills,  4x6  in.,  support  the  sluice  every  4  ft.,  being 
mounted  on  4  ?c  6-in.  posts.  The  sluices  ordinarily'  have  a  4% 
grade,  and  one  of  the  size  just  given  will  carry  3,200  miner's 
inches  on  a  4%  grade;  6  to  8%  grades  are  used  where  pipe-clay 
is  to  be  moved.  Th'e  water  must  run  at  least  to  10  or  12  in. 
deep"  in  the  sluice,  so  as  to  cover  boulders  of  that  size  and  facilitate 
their  moving  along.  A  sudden  break  or  drop-off  in  the  sluice 
line  can  b&  used  to  effect  the  disintegration  of  cemented  gravels. 

Banks  of  cemented  gravel,  often  weighing  3,600  lb;  per  cu.  yd., 
or  133  lb.  per  cu.  ft.  in  place,  are  broken  up  by  using  black 
powder.  If  the  bank  is  50  to  125,  ft.  high  a  tunnel  is  run  in 
about  two-thirds  the  height  of  the  bank,  and  at  the  end  of  the 
tunnel  lateral  drifts  are  run  parallel  to  the  face,  forming  a  T. 
One-half  to  %keg  (25-lb.)  of  powder  per  1,000  cu.  ft.  of  grayel, 
measured  in  front  and  above  the  lateral  drift,  is  the  charge 
placed  in  the  -lateral  drifts,  tamped  and  fired.  As  illustrating 
the  accuracy  of  sampling  the  yield  of  gravel  determined  by  test 
pits  and  drifts,  one  example  will  suffice.  Excavations  from 
which  21,600  tons  of  gravel  were  taken  actually  yielded  $2.75 
per  ton  in  gold,  wiile  "the  estimated  yield  by  sampling  was  $2.00. 

For  data  on  bank  blasting  see  Chapter  V. 

Many  data  on  the  "duty  "  of  water  are  given  by  A.  J.  Bowie 
in  "  A  Practical  Treatise  on  Hydraulic  Mining."  Amounts  vary- 
ing from  1  to  7.5  cu.  yd.  are  given  as  transported  by  a  miner's 
inch  in  24  hr.  This  is  roughly  from  1  to  10%  as  many  cu.  ft.  of 
material  moved  as  there  are  cu.  ft.  of  water  used  to  move  it. 
On  Yuba  River,  Calif,,  some   19,100,000  cu.  yd.  of   gravel  were 
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moved  with  3.5  miner's  inches  per  cu.  yd.     On  American  River, 
Cahf.,  8,015,000  cu.  yd.  required  4.5  miner's  inch  per  cu    yd 

Volume  of  Water  for  Hydraulicking.  Table  V  was  compiled 
by  engineers  of  the  Union  Iron  Works  Co.,  San  Francisco,  Cal., 
published  in  their  catalog  No.  5,  on  hydraulic  excavating  ma- 
chinery, and  given  in  Engineering  and  Contracting,  June  12,  1912.- 

TABLE    V- WATER    REQUIRED    FOR    EFFECTIVE    HYDRAULICK- 
ING,   CU.   FT.   PER   MIN. 

Head  :  2-in.  SJ^-in.  3-in.  ^       4-in.  5-in. 

It.  nozzle  nozzle  nozzle  "     nozzle  nozzle 

100  120  188  278                 488  76O 

150  150  233  338                 600  93S 

200  1^8  270  390                 690  1,073 

250  195  300  435                   773  1,200 

300  210  330  480                 848  1320 

350  225  360  508                 915  1425 

*00  240  383  548                 975  1,500 

The  catalog  gives  a  .table  for  nozzles  up  to  10  in.  and  heads  up 
to  700  ft.  The  volume  of  water  increases  as  the  square  of  the 
diameter  of  the  nozzle. 

The  Miner's  Inch.  Engineering  and  Mining  Journal,  May  26, 
1904,  gives  the  following: 

In  the  California  Journal  of  Technology,  A.  P.  Stover  gives  the 
number  of  miner's  inches  assumed  in^different  states  to  equal  a 
flow  of  1  cu.  ft.  per  second. 

By  custom       By  statute 

California     50.0  40.0 

Colorado     , 38.4  38.4 

Montana     40.0  40.0 

Idaho     50.0  .... 

Arizona     40.0  

Nevada    50.0  

Utah 50.0 

In  Nevada  the  minfer's  inch  in  one  part  of  the  state  may  be 
measured  under  4-in.  pressure,  while  in  another  part  under  6  or 
12-in.  pressure.  Along  the  Humboldt  River  water,  in  some  cases,  , 
is  measured  under  pressures  of  2,  3.5,  or  even  4,  ft.  The  great 
difficulty  is  to  obtain  a  constant  head;  this  may  be  done  with 
flows  of  small  volume  by  use  of  a  proper  measuring  box,  but  it  is 
impossible  with  flows  of  severaL  hundred  feet  per  second. 

Ditches  and  Flumes.  Where  lumber  is  cheap  and  where  the 
required  life  of  the  water  supply  line  is  not  much  more  than  10 
■yr.,  the  cost  of  a  flume  is  frequently  less  than  that  of  a  ditch. 
A  larger  amount  of  water  per  unit  of  section  area  is  carried  by 
•flumes  than  by  ditches.  Waste  gates  should  be  placed  every  y^ 
to  %  mile. 

Giants  have  lieen  designed  to  accelerate  the  movement  of  ma- 
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terial  thTQiJgli  flumes,  ditqhes  and  ground  sluices.  Sea-  Fig.  2, 
which,  shows  a  "  booster  giant "  ma4e  by  the  ;  Joshua  Hendy 
Iron  Works,  San  Francisco.  '•' 

A  Criant  and  Hydraulic  Elevator  Plant.  Engineering  News, 
Jan.  16,  1896j  ,giyes  the  following: 

In  an  exhaustive  paper  on  "  The  Present  Condition  of  Gold' 
Mining  in  the  Southern  Appalachian  Statos,"  by  Messrs.  H.  B.  C. 
tetze  and  H.  A.  J.  Wilkens,  presented  at  the  Atlanta  meeting  of 
the  American.  Institute  of  Mining  Engineers,  the  authors  de- 
scribe a  novel  method  which  is  about  to  be  used  in  reworiiing  the 


11  L         ^ 
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Fig.  2.     A  Booster  Giant. 

old  placer-deposits  on  the  Mills  property,  Burke  Co.,  N.  C.    The 
work  is  described  as  follows. 

The  deposits;  are  situated  near  the  headwaters  of  Silver  Creek. 
They  are  about  a  mile  in  length  and  are  located  mainly  upon,  the 
west  ba,nk  upon  which  the  gravel;  often  extends  out  a  distance  of 
.500  to' 600  yd;  The  main  diflSculity  encountered  is  the  want  of 
fall  in 'the  bed,  a  feature  common  to  many  Southern  placers. 
It  amounts  in  this  case  to  less,  than  1  ft.  in  100.  To  overcome 
this  obstacle  for  hydraulicking  with  continuous  sluice,  the  use 
of  the  hydraulic  gravel-elevator  was  decided,  upon,  and  some  ex- 
periments were  made  with  it  a  few.  years  ago.;  "^  In  the  main,  they 
were  satisfactory,  but  were  soon  abandoned,  the  plant  beipg  unfit 
for  continuous  use,  and  monazite  not  being  at  that  time  a  valu- 
able product.  ,         ; 
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Fig.  3  gives  a  rough  sketch  of  the  plant  and  method  to  be  car- 
ried out  by  the  present  company.  Twelve  miles  of  ditch  and 
flume  line  (l)  carry  the  water  from  a  reservoir,  through,  the 
Dan  Sisk  gap  in  the  South  mountains,  to  a  penstock  (4),  sit- 
uated 200  ft.  above  the  level  of  the  creek  bed.  The  .ditch  is  cut 
about  8  in.  deep  by  20  in.  wide,  at  a  cost  of  about  25  ct.  per  rod, 
and  is  given  a  grade  of  from  li^  to  3  in.  wide  by  12  !ih.  deep. 

The  water,  before  reaching  the  penstock,  flows  through  a  sand- 
pit ( 2,  Fig.  3 ) ,  to  catch  sand,  etc.,  washed  into  the  ■  ditch  line 
from  the  side.     It  then  enters  the  penstock  after  passing  through 


Pig.  4.     Hydraulic  Gravel  Elevator. 


a  screen  (3)  for  removing  leaves,  sticks,  etc.  The  pipe  (5)  run- 
ning from  the  penstock  is  10-in.  spiral  riveted  sheet-steel  (No.  16 
Birmingham  gage),  coated  with  coal  tar  and  connected  with 
flanges.  Smaller  curves  are  made  by  placing  cast-iron  beveled 
wings  between  the  gaskets  of  the  flanges,  larger  ones  by  suitable 
elbows.  Near  the  gravel  pit  the  10-in.  pipe  branches  out  through 
a  Y  (6)  into  two  7-in.  pipes,  supplied  each  with  a  gate-valve,  one 
leading  to  the  giant  (10)  and  the  other  to  the  hydraulic  elevator 
(7).     These  are  both  of  California  type  and  manufacture. 
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An  illustration  of  the  elevator  is  given  in  Fig.  4.  The  prin- 
ciple of  this  device  is  too  v?ell-known  to, require  a  description.'  It 
is -intended  td  keep  the  elevator  stationary  as  long  as  possible,  as, 
its  installation  consumes  considerable  time.  A  pit  ni^st  be  sunk 
in  the  bed-rock,  ^.nd  as  the  elevator  must  also  drain  the  workings 
(a  drain  on  the, top  of  the  bed-:fock  to  the  initial  point  of  work- 
ing was  considered  too  expensive),  the  water  would  gain  top  much 
headiyay  while  the  eleva,t,or  is  moyedji  The  work  in  the  main  pit' 
will  be  carried  diagonally  up  the  banks  of  the  stream,  so  ag  to  gain 
as  much  grade  as  possible.  As.  soon  as  there  is,  room,  a  sluice  box 
(9)    will  be  placed  between  the  working-bank  and,  the  elevator 

pi'-  '  '      , 

The  upper  part  of  this  sluice  will  be  filled  with  3-in.  by  irin. 
blocks, and  the  remainder  by  1-in.  by  3-in.  cross-riffles,  placed  11 
in.  apart  and  held  down  by  a  sand-board,  which  is  halved  down 
on  them.  Both  wjH  help  to  protect  the  sluice  box,  aga,inst  wear. 
All  pebbles,  etc.,  more  .than  %  in.  in  diameter,  will  be  forjke^i  out 
of  the, sluice  and  left  in  the  pit  (11).  After  being  raised  by  the 
elevator,  the  material  will  pass  through  another  sluice  (8),, the 
tailings  from  which  will  be  worked  for  nionazite.'  It  is  expected 
that  by  far  the  larges>t  part  of  the  gold  will  be  sa,ved,  in  the , first 
sluice.  "T 

An  Incline  and  Giant.  In  Siskiyou  County,  Cal.,  according  to 
Engineering  and  Mining  Journal,  :'Noy.  16,^  1012,  an  incline  apd 
a  giant  are  used  instead  of  a  hydraulic  elqYastor>  The  incline  is, 
an  inclined  trough,  usually  8  ft.  wide  and  80  ,to,  100  ft.  long. 
The  sides  range  from  12  ft.  wide  at  bottom  to  0  ft.  at  top.  ,  The, 
bottom  is  composed  of  two  sets  of  lyj-in.  plank.  A  bridge,  usu- 
ally 10  ft.  long,  of  well  supported  boards,  extenfls  from  the  gravel 
to  the  incline.  ,  This,  bridge  and  the  first  ,20  ft.  of  theiacline  are 
lined  with  %in.  steel  plates.  In  operation  two  or  more  giants 
are  employed:  the  first  cuts  down  the  deposit  and  the  second, 
located  about  80  ft,  from  the  bridge,  washes  i  thg  material  up 
and  over  the  sloping  bridge  by  the  driving  power  of  the  wa,ter. 
As  much  as  1,200  cu.  yd.  of  gravel  per  day  have  been  khandled 
by  two  No,  3  giants  using  1,200  miner's  inches  of  water  under 
450-ft.  head.  Boulders  as  large  as  5  ft.  in  diameter  are  driven 
over  the  incline.  In  some  of  the  placers  this  method  ,is.  i|sed  in. 
pits  20  to  25  ft.  deep. 

The  machine  is  unhandy  to  move.  Four  men  with  a  capstan, 
block  and  tackle  and  a  mule  will  change  the  location  of  a  ma- 
chine in  8  or  9  days.  ^     , 

The  cost  of  operation  is  stated  to  be  6  or  7   ct.   per  cu.  yd. 

Hydraulic  Elevator  Work  in  Alaska.  The  following  is  given 
by  C.  W,  Purington  in  Mining  and  Scientijic  Press,  Apr.  26,  1913. 
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Unfrozen  gravel  is  handled  on  claims  of  the  Pioneer  Mining  Co. 
on  Anvil  Creek,  Nome;  Alaska,  with  a  hydraulic  giant,  assisted 
by'  a  bedrock  sluice,  a  hydraulic  elevator  and  a  nozzle  for  wash- 
iiig  away  the  tailings.  The  gravel  is  coarse  and  sub-angiilar. 
with  maiiy  medium  sized  boulders.  Eighteen  men  and  1  team  are 
employed  on  each  10-hr.  shift.  About  one-half  the  men  are  em- 
ployed cleaning  bed  rock,  and  the  team  of  horses  is  used  for  re- 
moving stones  larger  than  8-in.  in  diaiheter,  that  will  not  go 
through  the  elevator  throat.     '    ' 

The  duty  of  the  miner's  inch -^  considering  all  operations  — 
is  2.63  cu.  yd.',  or  30.4  cu.  yd.  of  water  are  required  to  move  1 
cu.  yd.  of  gravel.  The  total  amount  of  water  used  during  an 
operation  of  29  days  in  September  and  October,  1911,  was  15,733 
miner's  inches  which  moved  41,415  cu.  yd.  Of  this  water  only 
20.4%  was  used  for  the  piping  giant,  while  4.2%  was  used  for 
the  bedrock  sluice,  8.3%  for  the  tailings  giant,  and  67.1%  for 
the  hydraulic  elevator.  If  all  the  water  available  was  used  for 
piping  giants,  then  the  duty  of  the  miner's  inch  would  have  been 
about  12.38  cu.  yd.  for  an  average  daily  yafdage'  of  6,716  cu.  yd. 

The  elevator  was  of  the  Campbell  type,  having  a  10.5-in.  throat 
and  upcast  pipe  15  in.  in  diameter.  The  bed  rock  sluice  was  of 
steel,  and  -the  face  was  carried  as  much  as  150  to  250  ft.  from  the 
throat  of  the  elevator.     This  machine  raised  the  gravel  26.5  ft. 

Transporting  Sand  Through  a  Pipe  with  the  Aid  of  an  Ejector. 
Engineering  and  Contracting;  July  7,  1909,  giveis  the  following: 

For  transporting  sand  from  a  scow  to  a  tank,  a  distance  of 
630  ft.,  an  ejector  was  used.  A  line  of  4'in.  cast  iron  pipe  ran 
from  the  ejector  to  the  tank.  The  total,  lift  from  the  scow  to  the 
tank  was  30  ft.  The  sand  was  shoveled  into  a  hopper  attached 
to  the  ejector.  The  diameter  of  the  nozzle  of  ejector  was  l^  in., 
and  the  diameter  of  the  water  jet  was  1  in.  The  water  pressure 
at  the  jet  was  110  lb.  per  sq.  in.  There  were  80  cu.  yd.  of  sand 
transported  per  10-hr.  day  by  this  method,  incidentally  the 
sand  was  well  Washed,  for  the  overflow  water  from"  the  tank  car- 
ried off  the  silt. 

Kemoving  nnck  from  a  Bridge  Caisson  hy  a  Hydraulic  Ele- 
vator. Engineering  and  Contracting ,' Jnly  12,  1911,  gives  the 
following  relative  to  work  on  the  sub-structure  of  a  bridge  at 
Vancouver. 

The  hydrsiulic  elevator  is  operated  on  the  same  principle  as  a 
steam  syphon  or  ejector,  water  being  used  at  about  100  lb.  pres- 
sure -to  lift  the  material  out  of  the  pit.  The  elevator  (Fig. 
5)  consists  of  a  V-tube  through  which  the  water  is  forced.  The 
"  down "  pipe  is  4  in.  in  diameter  and  the  "  up "  pipe  5  in. 
Neair  the  lower  end  of  the  up  pipe  is  a  Y-braneh  leading  to  the 
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material  to  be  excavated-  The  material  is  agitated  by  means  of 
a  jet  pipe  which  also  is  shown  in  the  drawing., 
.  The  former  method  used  for  talHng'out  the  soft  muck  first  en- 
countered in  the  caisson  was  to  blow  it  out  through  a  pipe  by 
means  of  the  air  pressure  in  the  caisson.  Tjiis  could,  only  be 
done  intermittently  because  of  blowing  off  all  the  air."  By^  the 
hydraulic  elevator  the  operation  is  continuous  and  the  air  pres- 
sure within  the  caisson  may  be  maintained.  No  trouble  has  been 
experieijced  by  the  air  escaping,  as  pne  might  suppose.  When  the 
(Blevator  is  not  actually  excavating,  a  board  is  placed  under  the 
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Hifta/licJef. 
tng.Cmig. 

■   "    CJewHiM  tfBMfr 
Fig.  5.     Hydraulic  Elevator  and  Jet  Used  for  Excavating   and 
Discharging   Material    from   Caissons   of   Vancouver    Bridge. 

Siiiction  and  the  water  from  the  pump  is  simply  allowed  to  flow 
through  the  pipes.  The  pump  used  is  a  duplex  pump  fii'rnishiiig 
water  at  100  lb.  pressure  at  the  pump. 

By  a  comparison  of  the  two  methods  in  caissons'  of  equal  size 
—  16  ft.  square  —  it  was  found  that  with  the  use  of  air  pressure 
123  cu.  yd.  were  blown  out  in  42  hr.,  whereas  115  cu.  yd.  were 
ta.ken  out  in  19%  hr.  with  the  hydraulic  elevator.  This  is  2.93 
and  5.90  cu.  yd.  per  hr.  respectively,  or  an  increase  of  100%  by 
the  use  of  the  hydraulic  elevator. 

Pressure  Boxes.     A  pressure  box  is  located,  at  the  intake  of 
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the  pipe  line  leading  to  tlie  giants.  It  should  he  spacious  and  the 
water  sjiould  stand  4  ft.  or  more  deep  over  the  entrance  to  the 
pipe  to  prevent  the  entrance  of  air.  Provision:  must  be  niade  for 
the  ovoTflow  when  the  gates  ill  the  pipe  line  are  closed. 

Pipe  Lines  for  Hydraulic  Hining.  Engineering  and  Con- 
tracting, Dec.  il,  1907,  gives  the  following: 

In  hydraulic  mining  in  Alaska  the  water  is'  distributed  from 
the  pressure  box  to  the  monitors  and  elevators  by  means'  of 
wrought-iron  or  more  generally,  steel-riveted  pipe,  usiially  made 
up  in  sections  17  to  19  ft.  long.  Sheet  steel  is  used,  from  8  to 
16  U.  S.  standard  gage,  bent,  each  plate,  30  or  36  in.  long,  being 
riveted  in  double  rows  lengthwise  and  single  on  the  ends.  The 
sizes  used  va,ry  from  8  to  36  in. 


Cny.-eeii*e 


Fig.  6.     Reinforcing  a  Slip  Joint. 

The  pipe,  is  shipped  by  the  manufacturers,  either  made  up  and 
riveted  ready  to  be  laid  with  slip  joints,  or  the  material  is 
supplied  in  short  plate  sections,  bent,  punched  and  furnished 
with  necessary  rivets,  .ready  to  be   cold  riveted  on  the  ground. 

Sections  of  pipe  are  put  together  by  slipping  or  by  flange  or 
lead  joints.  If  it  is  advisable  to  reinforce  a  slip  joint,  the  device 
shown  in  Fig.  6  which  can  be  made  quickly  in  a  blacksmith  shop, 
is  often  used.  The  sleeve,  lugs  arid,  keys  should  be  made  of  soft 
steel.  '       ' 

In  laying  pipe  from  the  pressure  box  to  the  placfjr  claim,  the 
line  should  be  started  at  the  lower  end,  and  the  joints  slipped  in 
down  the  slope.  In  cold  climates  the  best  practice  is  to  lay  the 
pipe  line  in  a  slight  lateral  curve,   so  that  subsequent  contrac- 
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tions  of  the  units  may  be  remedied  by  pushing  the  pipe  into  a 
more  nearly  straight  line.  The  pipe  should  be  laid  as  nearly 
straight  as  conditions  will  allow,  and  elbows  and  bends  oi  small 
radius  should  be  avoided. 

Various  methods  of  "setting^'  ^he  pipe  are  used.     In  Oregon 
the  device  shown  in.  Fig."  J  is  used  in  setting  and  unsetting  pipe. 


EiUfrConNt  ' 

) 
\Fig.  7.     Oregon  Method  of  Jointing: Pipe,  s 

The  wrench  is  made  with  reversible  parts,  so  that  "ijihe  position 
of  the  leverage  can  be  changed  for  the  different  operations.  An- 
other device  sometimes  us6d  in  British  Columbia  is  shown  in  Fig. 
8.     It  consists  of  a  square  block  -of  timber  3  It.  x  3  ft.  x  9  in.. 


■rf. 
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Fig.  8.     British  Columbia  Method  of  Jointing  Pipe. 


faced  with  ^g'i'i-  steel  plate,  to  which  is  bolted  a  disk-like  wooden 
plug  the  diameter  of  the  pipe  inside.  Twb  men  batter  the  timber 
with  mallets. 

Lead  joints  are  seldom  necessary  in  Alaskan  operations,  the 
^lipost  universal  practice  being  to  use  slip  joints. 

On  steep  declivities  pipe  joints  are  braced  and  strengthened 
by  ificana  of  lugs  and  wiring  as  shown  in  Fig.  9. 

DitQh  Construction  in  Alaska.  Chester  W.  Purrington,  in  a 
tr.  S.  Geological  Survey  Bulletin,  abstracted  in  Engineering  and 
ipfintrdcting,  Jan.  1,  1918,  says  that  ditches  on  the  Seward  Penin- 
sila  are  made  with  breaking  plows,  scrapers  and  road  graders, 
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all  being  drawn  by  horses.  Four  or  eight  horses  are  used  on  a 
grader,  two  to  four  on  a  scraper.  Special  methods  are  necessary 
when  the  ditch  passes  through  sections  underlain  by  ground  ice,  or 
runs  over  sections  of  rock  that  are  broken  and  fractured.  It  has 
tjeen  found  bad,  practices  to  cut  through  the,  stringy  moss  which 
overlies  the  masses  of  ground  ice,  generally  referred  to  as  "  gla- 
cier." In  fact  it  is  disastrous  to  the  permanency  of  that  section 
of  the  ditch,  .and  ig  the  beginning  of  never-ending  repairs,  since 
the  ice  continues  to  thaw,  causing  constant  leakage.  The  best 
practice  is  to  build  sod  walls  on  the  lower  side,  leaving  the  moss 
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Fig.  9.     Bracing  Pipe  on  Slopes. 


undisturbed.  -  All  rock  work  must  be  done  by  hand,  and  where  the 
ditch  passes  through  fractured  material  all  cracks -must  be  filled 
with  moss.  Too  much  care  can  not  be  observed  in  the  latter  de- 
tail, and,  especially  during  the  first  weeks  of  use,  men  must  be 
kept  constantly  traversing  and  repairing  those.  ■  sections  where 
leaks  are  apt  to  occur.  The  .atifring.  up  of  the  water  by  men 
walking  along  the  bottom  of  the  ditch  is  a  good  practice  in  the 
early  stages,  for  silt,  in  addition  to  the  sod,  is  a  most  valuable 
factor  in  filling  the  cracks. 

A  scraper  will  work  to  great  advantage  in  decayed  schist,  which 
needs  no  lining,  as  it  holds  water  better  than  any  other  ground 
encountered  and  cuts  out  less,  Fluming  does  not  pay  when  there 
is  a  possibility  of  ditch  building.  In  fact,  it  has  been  often 
stated  by  men  familiar  with  ditch  construction,  that  where  pos- 
sible, it  is  profitable  both  as  regards,  first  cost  and  subsequent 
maintenance  to  build  a  ditch  in  place  of  fluming,  even  if  the  dis- 
tance necessary  to  be  covered  by  the  former  be  ten  times  that  of 
the  latter. 

I  Many  slopes  apparently  not  permitting  a  ditch  out,  owing  to 
the  presence  of  broken  rock  and  talus  slides,  on  close  examination 
are  found  to  be  favorable,  for  if ,2  or  3  ft.  qI  this  loose.'materlal  is 
pioved  there  are  excellent  opportunities  for  comparatively  cheap 
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rock  cuts.  When,  ,howeve»,  iJt.iS;  jdee^i;ie(i  impra,cticaWe  to  con- 
struct a  ditch,  and  where  a  flume  must  be  built  crossing  a  gully, 
a  very  efficient  foundation  can  be  njade  by  digging  shallow  holes, 
filling  with  gravel,  and  placing  on  top 'a  wide  plank  to  distribute 
the  load.  If  the  trestle  rests  on  such  foundations,  and  the  under- 
lying ice  is  not  disturbed,  much  trouble  from  settling  will  be 
, avoided. 

The  following  are  a  few  of. the  costs  representafive  of  ditch- 
ing in  various  materials,: 

Per  cu.  yd. 

Soft  muck  and  tundra    $0.75 

Gravelly    dirt    0.65 

Decayed    schist    $0.40  to      0.60 

Bock  work,  fairly  solid   ; 1.75 

Schist   in   place    1.00 

Loose    rock    1.26 

A  ditch  carrying  1,000  miner's  inches  will  coat,  under  fair  con- 
ditions, $2,000  per  mile.  One  with  the"  capacity  of  4,000  miner's 
inches  will  cost  between  $4,000  and- $53600 "per  mile.  Though 
much  affected  by  Varying  local  conditions  a  conservative  estimate 
for  general  worlt  is  $1  per  cubic  yard  throughout. 

A  Simple-  Timtjer  Flume.  Two  flumes,  over  800  ft.  long  and 
2^  X  2  ft.,  and  one  400  ft.  long  and  5x4  ft.,  were  required  to  be 
built  for  the  Santa  Rita  Mining  Co.,  in  Ccjlombia,  South  America, 
and  only  nativfi  carpenters  with  peori  helpers- were  available.  All 
framing  had,  therefore,  to  be  designed  so  that  measuring  and 
thinking  would  be  unnecessary  by  the  carpenters.-  The -design  se- 
lected to  meet  the  conditions  and.  the  method  of  constructing  the 
flume  are  described  in  Engineering  and  Mining  Journal  by  R.  D. 
•■  0.  Johnson  an^  abstracted  in  Engineering  amd  Contraojting, 
Apr.  17,  1912. 

The  boards  were  all  1%  in.  thick  and  121^  ft.  long,  making  the 
flume  boxes  average- 12.  ft.  in  length.  Since  it  cost  as  much  to 
edge  and  to  handle  a  6-in.  board  as  it  did  a  12-in.  fcoardj  the  use  of 
narrower   boards  was  not  frequently   allowed.  ' 

All  boards'  were  sawed  by  hand,  the  sawyers  working  in  pairs. 
The  sawyers  were  at  first  put  at  day's  pay,  but  it  soon  became 
evident  that  the  lumber  would  cost  $40  per  M.  It  always  pays 
to  put  the  peon  on  contract  where  possible;.  As  the  peon  knows 
nothing  of  the  measurement  of  lumber  by  the  board-foot  unit  and 
as  it  appeared  ahopeless  taslc  to  explain  it  to  him  another  niethod 
had  to  be  devised.  The  work  of  the  best  pair  of  sawyers. was 
taken  as  a  guide  and  a  schedule' of  prices  was  worked  out  for 
each  size  of  board  or  timber  needed.  These  prices  were  calcu- 
lated on  a  cost  of  $18  per  M,  the  prices  being  a  small  amount 
higher  for  the, thin  and  narrow  hoards^  and  a  small  amount  less 
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for  the  large  boards  arid  tiriibersl  This  scale 'of  prices  was  ac- 
companied Jby  simple  specifications  as  to  the  kind  of  timber  ac- 
ceptable, full  dimensions,  bark  edges,  worm  holes,  rotten  spots, 
etc. 

I  Contracts  were  given  to  each  pair  of  sawyers  for  a  limited  num- 
ber of  boards  and  timbers  on  the  basis  of  the  speciflcatloria  and 
price  schedule.  Each  sawye^'  was  charged  25  ct.  gold  per  day 
for  his  board,  the  cost  to  the  company  being  somewhat  below  this 
figure.  It  was  found  desirable  to  give  small  contracts  rather 
than  large  ones.  Boards  were  inspected  each  day  and  a  record 
of  the  work  of  each  pair  of  gajyyers  kept.     Failure  to  keep  to  the 
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Fig.    10.     Cross   Section   of  Timber   Plvime   Built  by   Colombian 
Native  Labor. 


specifications  was  met  with  the  penalty  of  severe  docking.  ^The 
prices  were  found  in  practice  to  be  about  right  as,  on  the  con- 
tracts, the.  better  sawyers  could  make  about  50%  more  than  the 
ruling  day's  pay  for  sawyers,  and  thei  poorer  ones  were  either 
eliminated  or  had  to  be  content  with  less  than  the  ruling  rate. 

In  searching  for  bunches  of  good  trees,  so  that  the  cost  in  time 
and  labor  in  handling  the  logs  would  be  less,  the  sawyers  would 
sometimes  go  to  great  distances  f;rom  the  sites  of  the  flumes, 
making  the  cost  of  collecting  boards  excessive. 

To  obviate  this  difficulty  a  price  of  from  1  to  3  ct.  a  board,  de- 
pending upon  the  size,  was  added  to  the  contract  price  and  the 
sawyers  were  required  to  deliver  their  boards  at  the  flume  site. 
AJl  boards  were  brought  to  dimensions  and  ed^ed  at  a  price  of  5 
ct.  per  board.     The  boards  were  not  toUgued  and  grooved,  reliance 
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for  the  tightness .  of  the  flumes  being  placed  on  careful  edging. 
"As  the  boards  were  finished  they  were  marked  and  distributed 
along  the  lines  of  the  flumes.  As  the  woods  were  full  of  small 
and  fairly' straight  trees,  it  was  determined  to  make  the  frames 
out  of  the  round  timber  without  even  going  to  the  trouble  and 
expense  of  taking  off  the  bark.  The  accompanying  cross-section  of 
the  flume  {Fig.  10)  shows  the  frame,  the  parts  of  which  are  of 
much  more  ample  diameter  than  the  working  stresses  would  ordi- 
narily require,  but  the  timber  was  plentiful  and  the  large  di- 
ameters made  up  for  the  mark  and  the  weakening  due  to  the 
cutting  out  of  crooks  and  bends.  Miter  boxes  were  used  to  cut 
the  sills,  caps,  posts  and  braces  to  reduce  the  cutting  to  mere 
mechanical  operations. 

The  sills,  caps  and  braces  were  of  round  timber  cut  on  con- 
tract, sills  6  ct.,  caps  3  ct.  and  braces  1  ct.  each.  The  cutting 
of  the  posts  required  the  combined  labor  of  three  carpenters  and 
was  not  given  out  on  contract.  The  wedges  were  made  from 
1^-in.  hardwood  boards,  10  in.  wide,  and  sawed  into  12-in.  lengths. 
These  short  sections  were  inserted  in  the  wedge  miter  box, 
wedged  tightly,  and  sawed.  Each  12-in.  section  makes  four 
wedges,  two  rights  and  two  lefts.  For  the  total  number  of  wedges 
the  labor  of  one  carpenter  for  six  days  was  required. 

As  the  sills  were  completed  they  were  laid  out  upon  the  shelf 
excavated  to  receive  the  flume,  lined  up  carefully,  spaced  and 
given  the  proper  inclination  on  the  curves.  When  all  the  boards 
had  been  sized  and  edged  and  all  parts  of  the  frames  formed  up 
and  distributed  along  the  line  of  the  flume,  four  native  car- 
penters and  four  helpers  (peons)  laid  the  flume  at  the  rate  of 
120  ft;  per  day.     The  process  was  as  follows: 

The  ends  of  the  boards  of  a  box  were  carefully  fitted  to  the 
end  of  the  preceding  box  already  laid,  the  lower  side  boards  were 
then  spiked  to  the  outer  bottom  boards;  the  bottom  as  a  \\^ole 
was  then  carefully  adjusted  to  the  centers  of  the  sills,  the  posts 
set  up  and  the  wedges  started.  The  center  bottom  board  was  then 
spiked  to  the  sills,  the  lower  side  boards  spiked  to  the  posts,  the 
caps  jplaced  and  spiked  and,  the  wedges  driven  up  hard.  The 
outer  bottom  boards  were  then  spiked'  to  the  sills  and  the  braces 
driven  into  their  recesses  in  the  sills  and  posts  and  spiked.  The 
posts  were  not  spiked  to  the  sills,  so  that  the  wedges  could  be 
driven  up  later  if  it  appeared  desirable  to  do  so.  The  necessary 
sequence  of  the  operations  involved  in  laying  the  flume  was  care- 
fully explained  to  the  carpenters  and,  with  a  little  practice,  they 
acquired  the  "  swing "  and  the  work  thereafter  moved  off  at  a 
satisfactory  rate.  Little  calking  of  the  flunie  was  found  neces- 
sary.    Although  ^  x  3-in.  battens  were  provided,  few  were  used. 
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Exelusivp.  of  the  work  of  excavating  the  shelf  and,,  on  the  two 
trestles  on  the  line,  the  cost  of  the  smaller  of  the  two  flumes 
was  45  ct.  per  running  foot. 

Movahle  Flume  on  Hydraulic  Fill  Dam.  The  following  ap- 
peared in  Engineering  Record,  Jan.  6,  1917;  , 

During  the  construction  of  a  large  hydraulic  fill  dam  recently 


Fig.   11.     Discharge  Plume  Easily  Moved  on  Inclined  Skids. 


ebmpleted  in  the  West,  considerable  time  was  saved  by  the  use 
of  an  inclined  runway  forthe  flume  from  which  material  was  de- 
posited on  the  dam. .  Although  the  flume  was  moved  by  hand,  it 
was  only  necessary  to:  interrupt  the  flow  for  short  periods  while 
the  delivery  flume  was  skidded  up  the  incline  to  the  desired  new 
positibn*     See  Fig.  11.  ,; 
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Three  borrow  pits  were  used,  from  wKich,  by  means  of  hydraulic 
giants,  material  •  was  sluiced  into  three  main  flume  lines.  From 
these  mains  the  material  was  conveyed  through  flumes  along  the 
■upstream  and  downstream  sides  of  the  ftU.  'By  the  use  of  gates 
the  streams  were  discharged  from  the  flumes  at  the  desired  inter- 
vals toward  the  axis  of  the  dam.  ' 

The  flume  box,  12  x  24  in.  in  section,  was  built  up  of  l^-in. 
boards  and  was  paved  with  Gx  12  x6-in.  hemlock  blocks  set  on 
end.  Immediately  above  the  blocks  I  x6-in.  projecting  strips  were 
nailed  on  each  side.  This  box  was  supported  on  2  x  6-in.  Stringers, 
which'  in  turn  were  carried  by  4  x  6-in.  caps  on  the  low  sliding 
bents  spaced  15  ft.  apart  and  inclined  on  a  slope  of  5  to  1.  The 
6  X  6-in;  ipclined  caps  were  supported  on  pieces  of  the  same  size 
restinig  on  the  material  previously  deposited  and  tied  together 
l)y  cross-bracing'.  " 

The  flume  proper  was  moved  up  the  incline  by  means  of  a  lever 
and  chain  device  at  each  bent.  The  lever  consisted  of  an  iron  bar 
near  the  lower  end  of  which  was  fastened  a  chain  connecting  with 
the  framing  of  the  flume  box.  At  the  extreme  lower  end  of  the 
bar  a  second  chain  was  attached  which  passed  over  an  iron  claw 
fastened  to  the  upper  end  of  the  inclined  6  x  6-iii.  cap.  This 
lever  was  operated  by  one  man  at  each  bent.  With  the  lever  in  an 
upright  position,  pulling  it  down  through  the  quadrant,  which  it 
was  possible  to  describe,  would  move  the  flume  up  the  incline  a 
few  inches.  This  gain  was  then  caught  by  taking  up  slack  in  the 
chain  at  the  claw,  and  the  operation  repeated. 

Short  lengths  of  lateral  flumes  were  attached  to^  the  openings 
in  the  up  side  of  the  flume  box  to  facilitate  control  of  the 
flow.  Doors  for  cWsing  the  openings  were  provided,  so  that 
material  could  be  discharged  at  any  desired  point  along  the  crest 
■  of  the  fill,  a  duplicate  line  of  flume  being  used  along  up  and  down 
stream  faces.  Of  course  each  time  the  flume  was  moved,  it  was 
necessary  to  establish  a  new  connection  at  the  point  where  it 
was  fed  from  the  supply  flume. 

Sluicing  was  carried  on  practically  continuously  night  and 
day,  in  order  to  save  time,  arid  the  movable  feature  6f  the  fluine 
was  considered  to  be  a  factor  in  the  progress  of  the  job. 

Sluicing  Sand  anu  Gravel  in  Steel-Lined  Flumes.  Engineering 
Recdrd,  Dec.  20,  1913,  gives  the  following  account  of  hydraulick- 
ing  at'  a  gravel  pit  on  Puget  Sound  near  Tacoma,  Wash.,  where 
the'  conditions  of  the  plant  are  such,  that  ah  ordinary  l-in.  board 
in  the  flume  bottom  will  wear  through  in  about  two  days,  and  the 
cost  of  maintaining  any  of  the  ordinary  fornis  of  flume  blbfik 
paving  has  proved  pi'ohibitive.  The  unusual  severity  of  the  wear 
-is  caused  by  the  fact  that  the  flume  grades  have  been  kept  down 
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to  8  and  10%,  and  about  1.6  cu.  yd.  of  sharp  material  are  car- 
ried for  every  1,800  gal.  of  water .  pumped,  i  The  advantage 
of  this  is  that  a  daily  output  of  1,800  cu.  yd.  is  maintained  with 
a  pumping  equipment  which  is  considered  comparatively  light  for 
the  yardage  handled. 

The  deposit  lies  at  the  water's  edge  in  a  bank  rising  to  an 
elevation  of  240  ft.  above^  mean  low  water,  and  all  buildings, 
bunkers  a^id  loading  dock  are  supported  on  piles  in  deep  water. 
Flumes  from  the  pit  discharge  into  separators  which  feed  a  500- 
cu.  yd.  gravel  bunker  and  a  350-cu.  yd.  sand  bunker.  The  bunkers 
discharge  through  twenty  under-feed  gates  into  4-yd.  bottom- 
dump  cars  which  can  be  hauled  to  the  end  of  the  dock  and 
emptied  into  scows  at  the  rate  of  6  cu.  yd.  per  minute.  Water 
is  supplied  to  the  pit  from  the  Sound  by  two  duplex  compound 
steam  pumps  —  one  with  10  x  16  and  12  x  18-in.  cylinders,  the 
other  with  8  x  12  and  10  x  16-in.  cylinders.  From  these  pimips  a 
lO-in.  riveted  steel  pipe  line  runs  to  the  pit,  paralleled  by  an 
8-in.  auxiliary  line.  The  average  lift  of  the  water  is  100  ft.,  and 
at  this  head  these  pumps  normally  deliver  1,800  gal.  per  minute. 
This  delivery  for  18  or  20  hr.  per  day  is  sufficient  to  bring  to  the 
bunkers  the  full  capacity  of  1,800  cu.  yd. 

Three  separators  are  in  use,  fed  by  three  130-ft.,  12  x  12-in. 
flumes  which  branch  from  a  main  flume  24  in.  wide  and  12  in. 
deep,  .  This  main  flume,  which  runs  to  the  face  of  the  pit,  has  a 
length  of  100  ft.  and  is  fed  by  numerous  branch  flumes  of  equal 
depth  and  15  in.  in  width.  From  these  branches  12  x  12-in;  laterals 
are  laid  to  attack  the  bank  at  any  desired  point.  All  these 
flumes  in  the  pit  are  on  an  8%  grade,  the  three  separator  hnes 
having  a  10%  grade.  • 

With  the  low  velocity  of  water  and  the  very  heavy  percentage 
of  suspended  matter  the  wear  on  the  bottom  of  these  flumes  was 
so  great  that  at  first  no  material  could  be  found  which  would 
fulfil  the  requirements  of  hardness  and  cheapness  with  a  low 
coefiicient  of  friction.  Finally  the  expedient  of  buying  old  band- 
saws  from  the  lumber  mills  was  adopted,  and  the  use  of  these 
saws  to  take  the  wear  met  with  success,  from  the  start. 

The  flumes  are  built  of  1  x  12-in.  rough  lumber,  chiefly  in  6-ft. 
sections,  and  this"  construction  lends  itself  readily  to  the  use  of 
band-saws,  which  come  in  10,  12  and  14-in.  widths;  In  the 
12  X  12-in.  flumes  a  single  saw  blade  is  laid  in  the  bottom  apd  a 
three-cornered  wooden  strip  nailed  over  it  at  the  corners  to  hold 
it  in  place.  In  the  24-in.  flume  circular  saw  blades,  sheared  to 
the  proper  widths,  were  used  in  the  same  way. 

The  band-saws  are  usually  12-gage,  while  the  circular  saws 
come  in  6  or  8-gage  thicknesses.     As  the  material  is  oil-tempered 
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tool  steel,  it  is  too  hard  to  be  recast  successfully,  and  therefore 
has  little  scrape  value.  Discarded  saws  were  bought  at  prices 
ranging  from  0.25  to  0.50  ct.  per  pound  and  are  believed  to  last 
three  or  four  times  as  long  in  the  flume  as  ordinary  structural 
steel.  In  the  fltimes  on  10%  grade  it  is  said  that  the  12-gage 
steel  normally  passes  10,000  to  12,000  cu.  yd."  of  material  before 
being  worn  out. 

Cost  of  Flumes.  For  detailed  costs  of  flume  construction,  see 
the  author's  "  Handbook  of  Cost  Data." 

Cost  of  Gravel  Mining.  Data  regarding  the  cost  of  hydraulic 
mining  in  California  during  the  season  commencing  Nov.,  1899, 
and  ending  July,  1900,  are  given  by  William  H.'  Eadford  in 
Transactions,  American  Institute  of  Mining  Engineers,  vol.  31, 
1901. 

During  this  season  of  9  months  655,657  miner's  inches  ( 1 
inch  ^1,728  cu.  ft.  in  24  hr.}  were  used  for  the  monitors  and 
for  sweeping  the  bed  rock  at  the  end  of  the  season.  This  water 
cost  delivered  0.69  ct.  per  miner's  inch.  Surveys  showed  the 
amount  of  material  washed  to  be  1,251,399  cu.  yd.,  or  1.9  cu. 
yd.  per  miner's  inch.  , 

The  banks  varied  in  height  from  50  to  130  ft.,  averaging  63 
ft.  The  material  consisted  of  pay  gravel  lying  on  pay  rock  anfl 
varying  in  thickness  up  to  8  ft.,  and  barren  top  material  con- 
sisting of  broken  rock,  clay,  soil,  and  gravel.  The  grade  of  the 
sluices  was  7  in.  in  12  ft.  Long  bed-rock  cuts  extended  from 
the  head  of  the  sluices  to  the  banks.  These  bed-rock  cuts,  -in 
black  slate,  were  constructed  by  hand  drilling  and  blasting. 

Electric  lights  permitted  night  work. 

The  ditch  was  11  miles  long  and  was  cared  for  by  two  men 
during  the  rainy  months  and  by  one  man  for  the  remainder  of 
the  season. 

The  cost  of  the  hydraulicking  was: 

Care  of  ditch;  reservoir,  siphon:  !Per  cu.  yd. 

Labor,  $2,67lf  aapplies,:-$116    .^ $0.0022 

Washing  (piping),  $2,401  .0019 

Drilling  in  bed-rock  cuts: 

Hand,  $1-,051;  electric,  $270   0011 

Timbering  bed-rock  cuts,   $157    0001 

Electric  lighting,  $599  .0005 

Sluice  building  and  repairing: 

Labor,  $1,046;  supplies,  $35  ,0009 

BlacksmUhing,    $644    0005 

Cleaning-up,    $969 : 0008 

Moving  pipes  and  giants,  $899  0007 

Breaking  rocks  and  clay,  $6,125  0049 

Clearing  ground  for  piping,  $158 0001 

General  expenses,  watching  sluices,  misc.,  $3,089 0025 
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Sluice  building  and  repairing  (continued)  Pel*  cu.  yd. 

Supplies  >  used  in  mine,  $3,016   ;. ,. ..        .0024  , 

^axes,  'Office  expenses;  legal  expenses,  surveying,  sala- 
ries,   $4,267 ....:....., .'  '      .0034 

Total,    $27,512:  , $0.0220 

This  does  not  include  interest  or  depreciation  on  plaiit. 

Methods  of  Working  Placer  Gravel.  The  following  is  given 
in  Engineering  News,  Jan.  1,  1903.  The  mining  property  in  qties- 
tion  is  in  Cajifornia  and  considerable  capital  has  been  expended 
there  for  the  bringing  in  of  water  which  is  conducted  to  the 
min^  by  flume  and  ditch  a  total  distance  of  30  miles, .  having  a, 
capacity  of  3,000  miners'  inches,  The  nature  of  the  ground 
through  which  the  ditch  is  cut,  the  steep  slope  of  the  hillsides 
and  the  severity  of  the  winters  cause  the  expense  of  maintenance 
tpylJe  rather  high,  aggregating  about  22%  of  the  total  exploita- 
tion expenses.  During  the  earlier  years  of  the  company's  exist- 
ence thei;r  water  right,  gyen  in  favorable  seasons,  never  yielded 
over  450,000  miners', in.  More  recently,  however,  by  advantageous 
reconstructiqn,  this  has  been  increased  until  from  650,000  to 
750,000  miners', in.  are  obtained,  according  to  the  winter.  This 
big  supply  of  water— ^a  daily  average  of  3,000  miners'  in.  during 
eight  months  ■;—  cannot  be  utilized  constantly  with  profit  in  only 
one  spot.  For  good  work  it  is  necessary  to  have  several  points  of 
attack,  thus  allq\Fing  changes  of  water,  moving  of  machines,  clean 
up  and  other  contingencies  to  be  overcome  without  complete  sus- 
pension pi  operations.      .  , 

Both  mines  consist  of  gold-bearing  gravels,  with  material  of 
every  s^ze  from  pejbblies  to  boulders  of  2  to  3  cu.  yd.,  requiring 
water,  powder  and  derrick  for  their   removal. 

The  bank  is  broken  by  four  giants;  one  on  the  front  with  a 
head  of  400  ft.  and  nozzle  7  to  9  in.,  according  to  circumstances; 
two  on  the  left  side  with  150  io  250-ft.  heads,  and  one  on  the  right 
side  with  500-f t.  head,  to  break  the  cement. 

The  gravels  vary  in  thickness  from  2  ft.  to  250  ft.,  bearing  gold 
throughout. 

Broken  by  the  side  giants,  the  bank  is  prevented  from  sliding 
too  far  by  the  front  giant.  The  bank  slides  ahead  as  much  as 
100  ft.  in  24  hr. 

The  bank  being  for  the  most  part  loose,  this  slidiiig  is,  of  course, 
caused  by  the  piping.  For  this  reason  the  entrance  of  the  sluice 
is  kept  at  a  safe  distance  ^  usually  about  150  ft.  avfay  —  and 
the  front  giant  always  settled  at  the  head  of  the  sluice; 

The  sluice  is  6  ft.  wide  by  41^  ft.  deep,  with  the  boxes  12  ft. 
long.  At  the  beginning  of  the  last  mining  season  there  were  56 
boxes,  and  at  the  end  of  the  run  118,  of  which  additional  number 
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14  were  at  the  head  and  48  at  the  lower  end.     The  grade  is  8 
;  in.  to  the  box    ( 12  ft. ) .     The  bottom  is  laid  with  blocks  in  the 
first  ten  boxes  and'  boulders  in  the  others.     Two  Tindercurrents 
collect  the  fine  gold  very  satisfactorily. 

It  is  estimated  that  between  2,^  and  3  cu.  yd.  were  moved  per 
miner's  inch  of  water  used,  at  a  cost  of  2.7  to  3.3  ct.  per  cu.  yd. 
during  thg,  season  1901-02. 

A  High  Cost  of  Hydraulic  Mining.  In  a  paper  published  in 
Transactions,  Am/erican  Institute  of  Mining  Engineers,  vol.  33, 
1903,  W.  E.  Thome  gives  the  detailed  cost  of  a  hydraulic  mining 
operation  at  Georgetown,  Calif,  The  cost  X>i  the  material  moved 
was  18.3  ct.  per  cu.  yd.  This  high  cost  was  due  mainly  to  the 
short  season,  the  expense  of  buying  water,  the  cost  of  building 
dams  to  impound  debris  from  "  seam-diggings  "  located  upstream, 
the  hardness  of  the  bed  rock  and  resulting  high  cost  of  ground 
sluices,  and  the  generally  unfavorable  situation. 

The  bank  varied  froni  7  to  23  ft.  m  depth.  The  bed  sluices'  com- 
prised 1,300  ft.  of  8-ft.  wide' sluices  and  200  ft.  of  4-ft.  wide 
sluices,  varying  in  depth  from  4.5  to  25  ft.  The  grade  of  sluices 
was  1  in.  in  12  ft.  at  the  upper  end  to  4  in.  at  the  lower  end. 
Sluices,  including  the  boxes,  cost  from  $4  to  $150  per  lin.  ft.! 

The  water  for  ground  sluices  was  obtained  from  a  creek  and 
amounted  to  3,000  miriers'  inches  continuing  for  15  days  of  the 
year.  The  water  for  the  giant  was  purchased  at  a  cost  of  0.5  ct. 
per  hour .  per  miners',  inch.  Through  a  3-in.  nozzle  200  miliars' 
inches,  under  a  head,  pf  180  ft,,;  were,  used.  The  average  of  ma- 
terial moved  was  43.5  cu.  yd.  per  hr.  This  low  duty  was  due 
to  the  fact  that  the  work  was  being  carried  up-stream. 
'i  The  costs  of  supplies  were  as  follows:  Lumber,  $14  to  $16 
per  M;  powder,  12  to  13  ct.  per  lb.;  fuse,  50  to  55  ct.  per  100; 
caps,  60  to  65  ct^.  pet  100;  iron,  3.5  ct.  per  lb.;  nails,  3.5  to  4.5 
ct.  per  lb.     Miners  received  $2.50  per  day  cif  10  hr. 

There  were  7,500  cu.  yd.  of  gravel  moved  at  the  following  cost : 

Water      ,..■.., IfO.OSO 

Labor    •........:.......... .015 

Debris    dams 1 030 

:   Moying  pipe,   etc ; 005 

"Crevicing"   and   cleaning  bedrocle    006 

Taxes,  salaries,   etc.  .;..-...,; 007 

Blacksmithing 003 

Lumber    ,...., •■•         030 

Labor  on  sluides' , .040 

Powder,  fuse,   etc 017 

Total  per  cu.  yd;  ,i.... j ...i    $0,183, 

Methods  and  Cost  in  a  B.  C.  Placer  Tline,  llie  following  by 
Chester  F.  L.ee  and  T.  M.  Daultpn  is  taken  from  the  Transactions 
of:  the  Americam  Institute  of  M^nvng  Engineers,  1916, 
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Ruby  Creek  is  8  miles  long  and  flows  in  a  southerly  direction 
into  Surprise  Lake,  (British  Colunibia.  The  gravel  being  mined 
is  about  a  inile  up  stream  frorii  the  lake  and  is  the  stream  bed 
or  "v^creek  gravel."  The  rock  underlying  the  gravels  is  granitic 
and  has  taken  its  present  form  through  glacial  action,  the  al- 
liavial  material  having  been  deposited  subsequently,  partly  by 
glacial  and  partly  by  stream  action,  in  successive  flows  and  at 
widely  separated  times  as  shown  by  a  dike  of  basalt  about  13  ft. 
thick  which  overlies  the  bedrock  gravel  on  the  east  side  of  the 
creek. 

The  gulch  has  steep  banks  and  is  about  250  ft.  wide  from  rim 


CROSS  SECTION 


Fig.  12.     Cross-Section  of  Ruby  Creek  Showing  Position  of  Gravels 
Being  Worked  by  Hydraulicking. 


to  rim  at  the  surface  of  the  gravel. .  The  depth  of  the  gravel  at 
the  center  is  42  ft. 

Water.  A  log  crib  storage  dam  is  situated  4  miles  up  "Ruby 
Creek.  It  is  150  ft.  long,  12  ft.  high  and  G  ft.  wide  at  top, 
producing ,  a  reservoir  %  mile  long  and  i^  "lile  wide  with  an 
average  depth  of  8  ft.  From  this  the  water  follows  the  creek 
bed, 314  miles  to  the  intake,  whence  it  flows  into  the  ditch  which 
is  8  ft.  wide  at  the  top,  4  ftj  wide  at  the  bottom  and  31^  ft.  deep, 
the  grade  bfeing  8  ft.  to  the  mile.  There  are  400  ft.  of  ditch,  then 
300  ft.  of  flume  across  the  gulch  and  800  ft.  of  ditch  to  the  pres- 
sure box,  whith  is  8  by  10  by  10  ft.  From  this  box  issiies  the 
pipe  line,  2,265  ft.  long,  beginning  with  26-in.  diameter  16-gage 
"pipe,  and  ending  with  16-in.  14-gage  pipe.  The  normal  flow  is 
about  1,150  miners'  inches.  (31  cu.  ft.  per  second)  which  is  used 
through  7-in.  nozzles  of  No.  6  Hendy  giants.  Also  1,000  in.  come 
down  the  creek  and  are  used  as  a  bywash  to  assist  in  handling 
the  heavy  material.  The  vertical  head  at  the  pit  is  250  ft. 
Beside  the  main  pipe  line  a   16-in.  line  tapering  to  6  in.  in  a 
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length  of  432  ft.  is  taken  out  of  the  pressure  box  and  used  on  a 
Cassel  impulse  wheel  of  25-in.  diameter,  to  actuate  a  Sullivan 
8  by  8  class  WG-3  belt-driven  compressor  the  air  from  which  is 
used  to  drill  boulders. 

The  sluices  from  the  working  pits  are  42  in.  wide  by  42  in.  high, 
set  on  a  grade  4  in.  to  12  ft.  (2.77%).  The  sluices  are  double, 
as  will  be  explained,  and  their  length  is  4,000  ft.      ' 

Difficulties  Overcome.  The  obstacles  to  be  overcome  in  develop- 
ing and  operating  this  property  and  the  way  they  were  surmounted 
make  this  operation  noteworthy. 

The  conditions  which  presented  difficulties  are  outlined  below: 

1.  The  great  width  of  the  deposit,  250  ft.,  which  with  the  42-ft. 
banks  made  Impossible  the  working  as  a  single  pit  from  rim  to 
rim. 

2.  In  May  and  June  the  flood  waters  produce  four  times  as 
much  water  as  can  be  used,  and  the  excess  water,  if  carried  on  top 
of  the  bank,  tends  to  undermine  it  and  cave  it  into  the  pit. 

3.  Only  a  small  grade  (about  3%)  was  available,  which  of- 
fered poor  facilities  for  dumping. 

4.  The  boulders  were  large  in  number  and  size. 
These  problems  were  met  as  follows: 

The  ground  was  divided  by  a  median  line  up  the  creek  into 
two  series  of  pits,  A  on  the  west  side  and  B  on  the  east,  each 
being  about  125  ft.  wide.  See  Fig.  12.  Pit  A  was  advanced 
400  ft.  first  and  then  pit  B  was  begun,  the  pits  being  worked 
alternately.  After  hydraulicking'  some  hours  in  pit  A  until  the 
pit  is  so  full  of  boulders  that  the  stream  is  no  longer  effective, 
the  water  is  turned  pfl'  at  the  valve  above  the  workings  and 
two  men  are  left  there  to  block-hole  and  blast  the  boulders, 
Hydraulicking  is  then  begun  in  pit  B  and  continued  until  the 
boulders  obstruct  the  work,  when  they  are  drilled  and  blasted  in 
turn,  and  so  on. 

The  arrangement  of  sluices  is  such  that  in  flood  season,  the 
excess  water  is  allowed  to  flow  over  the  face  of  pit  A  into  the 
sluice  at  the  bulkhejid  and  dowii  this  to  where  the  double  sluices 
begin  opposite  pit  B  (Fig..  13),.  '  The  gates  at  the  head  of  the 
east  sluice  are  closed  and  the  flood  waters  go  through  the  west 
sluice  to  waste.  During  the  time  of  excess  water,  work  in  pit  A 
is  suspended,  but  pit  B  can  be  worked  without  interruption,  save 
for  the  time  needed  to  drill  and  shoot  the  boulders.  Without 
these  arrangements  work  would  have  to  be  suspended  during  high 
water,  which  would  be  a  serious  drawback  aa  the  season  is,  only 
about  150  days  in  all.  When  the  water  recedes  to  the  point 
that  it  can  all  be  handled  through  the  giant  and  by  Wash,  hydrau- 
lifking   is  resumed   in   the   pits   alternately   as   above   described. 
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Only  the  east  sluice  is  used  for  handling  ^gravel  and,  is  ^ttqd  with 
gold-saving  devices. 

The  arrangement  of  gates,  as  shown  in  Fig.  13,  permits  the 


Fig.   13.    Arrangement  of  Sluices,  Details  of  Two-Way'  Gates; 
and   Cross-Section   of,  Gold-Saving   Sluice. 

gravel,  from  either  pit  to  be  sent  down  the  east  sluice;  the,  west 
■  sluice  is  used  only  for  excess  water;.  The  upper  gate,  shown,  in 
detail  in  Fig.   13,  rests  loosely  against  the  pqst   and  is.  raised 
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oflF  the  bottom  of  the  sluice  by  two  men  throwing  their  weight  on 
the  end  of  the  long  lever.  This  relieves  the  water  pressure  and 
enables  the  gate  to  be  thrown  over.  If  it  were  not  for  this  ar- 
rangment  the  pressure  of  the  stream  would  make  it  impossible 
to  move  the  gate.  '  ' 

The  gold-saving  sluiqe  boxes,"  42  in.  wide,  were  originally 
paved  with  spruce  blocks  8  by  8  by  10  in.,  spelced  2  in.  apart 
longitudinally,  but  the  excessive  wear  on  them-  entailed  frequent 
stoppages  for  renewals  which  wais  both  annoying  and  expensive  as 
the  season  is  short  and  it  is  imperative  to  get  the  maximum  use 
of  the  water  during  the  open  period.  The  steepest  grade  obtain- 
able was  314%;  which  seriously  limited  the  amount  of  gravel 
handled.  In  1914,"  therefore,  2,400  lin.  ft.  of  high-carbon  steel 
plates  (0.9%  carbon)  were  bought  from  the  Carbon  Steel  Go; 
of  Pittsburgh  and  substituted  for  wood  blocks  for  this  distance. 
The  grade  of  the  flume  was  changed  to  2.77%  which  gave  20  ft.  ad- 
ditional dump  at  the  lower  end  of  the  sluice. 

The  plates  cost  |45  per  ton  at  the  mills,  $108.80  per  ton  laid 
down  on  Ruby  Creek.  '  Plates  of  this  sort  were  first  used  by  The 
McKee  Creek  Mining  Co.  in  this  district  in  1909.  The  plates  are 
.  12  ft.  long,  38  in.  wide,  ^  in.  thick,  and  are  placed  2  in.  apart 
as  to  their  ends  with  a  drop  of  ^  in.  from  one  plate  to  the  next. 
Fig.  13  shows  how  they  are  supported  and  hejd  in  position;  6- 
to  8-in.  logs  are  sawed  flat  on  two  sides  to  a  thickness  of  4  in., 
and  made  ^^  in.  thicker  on  the  downstream  end  than  on  the  up- 
stream in  each  12  ft.  of  length.  The  plates  are  supported  by  these 
and  held  down  by  the  edges  of  the  3  by  10-in.  lining  boards. 

The  space  between  plates  makes  an  excellent  riflBe.  The:use  of 
the  plates  increases  the  capacity  of  the  sluice  about  40%  and 
enables  angular  pieces  of  blasted  boulders  30  in.  in  their  longest 
dimension  to  be  put  through  as  against  20-in.  pieces  with  block 
riffles.  Occasionally  extra  large  boulders  get  into  the  sluice,  and 
5  by  21/^-ft.  boulders  have  gone  through  without  trouble.  :  All 
trouble  from  jammed  sluices  and  overflows  has  thus  been  ob- 
viated. 

'  After  a  season's  wear  and  carrying  67,940  cu.  yd;  of  gravel, 
the  plates  showed  an  abrasion  of  %2  in-  -^t  the  end  of  the  1915 
season,  after  transporting  a  total  of  130,380  cu.  yd.,  holes  de- 
veloped at  some  points.  The  surface  skin  of  the  plates"  is  harder 
than  the  interior  and  where  the  surface  becomes  slightly  worn 
deterioration  is  more  rapid.  A  steel  equally  hard  throughout  is 
desirable  for  this  use  and  the  question  of  its  production,  has  been 
taken  up  with  the  manufacturers. 

In  1915,  6,380  boulders  were  drilled  and  blasted  and  21,955 
"bulldozed"    without    drilling;    in   .1914,    23,832    were    Uaatedj, 
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which,  taking  the  two  years  together,  is  a  boulder  for  each  2.5  yd. 
of  gravel  worked.  The  practice  is,  to  "  bulldoze  "  the  .flatter  and 
smaller  boulders  without  drilling,  and  block-hole  the  larger  ones 
and  pipe  all  the  pieces  through  the  sluice.  For  drilling,  two  Sul- 
livan DA-19  40-lb.  hammer  drills  are  used  with  air  pressure  at  90 
lb.  at  the  compressor.  The  air  line  is  2  in.  in  diameter  and  1,000 
ft.,  long;  two  lines  of  50-ft.  hose  ^  in.  in  diameter  connect  directly 
with  the  drills.     In  1915,  explosives  cost  26  ct.  per  boulder. 

In  part  of  the  gr.pund  an  additional  obstacle  must  be  overcome. 
On  the  east  side  in  pit  B  a  dark  basaltic  dike  about  13  ft.  thick 
lies  on  top  of  the  21  ft.  of  pay  gravel  and  is  itself  overlaid  by 
6  ft.  of  waste  gra,vel.  This  basaltic  flow  is  lentieular  and  thins 
out, both  in  the  upstream  direction  and  from  the  center  toward 
the  east  rim.  It  pinches  out  entirely  250  ft.  upstream.  Fortu- 
nately the  basalt  is  friable  and  fairly  soft,  so  that  by  putting 
gopher  holes  under  it  and  shaking  up  with  powder  it  is  gradually 
broken  through,  and  can  be  washed  a,way  by  ground  sluicing  and 
hydraulicking. 

In  1915  the  following  results  were  obtained: 

Average  number  of  men  employed  20 

Hours   piping  in  pay   gravel    978 

24  hr.-in.  of  water  on  pay  gravel  46,862 

Total  cubic  yards  of  gravel  handled  62,440' 

Cubic  yards  per  24  br.-inch ,  1.33 

Cost  per  cubic  yard  of  gravel  handled; 

Labor $0,302 

Explosives     0.119 

Lumber 0.007 

Stable 0.009 

Hardware .,  0.006 

Licenses  and  'rentals   0.011 

Liability  insurance   : 0.005 

General  expense 0.017 

Totaf    . ; J0.476 

The  property  belongs  to  the  Placer  Gold  Mines  Co.  of  Seattle; 
G.  W.  Fischer,  President,  T.  M.  Daulton,  General  Manager;  the 
latter  has  planned  the  work  and  conducted  the  operations  since 
the  company  took  over  the  property  from  the  original  locators  in 
1908,  and  is  still  in  charge. 

Kange  of  Cost  of  Hydraulic  Mining.  There  is  a  wide  range 
in  the  cost  of  hydraulic  mining.  In  a  recently  issued  bulletin 
of  the  U.  S.  Bureau  of  Mines  it  is  stated  that  the  cost  may  range 
from  2%  ct.  per  cu.  yd.  in  California  under  exceptionally  favorable 
bircumstanees  to  12  ct.  or  even  20  ct.  at  Atlin,  B.  C,  and  to  25 
ct.  or  more  in  Alaska,  according  to  the  conditions  of  operation. 
Where  frozen  gravel  is  encountered  and  where  it  is  necessary  to 
elevat?  the  gravel,  costs  frequently  exceed  60  ct.  per  cu.  yd.     The 
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Bulletin  gives  data  on  work  of  this  character  from  which  the 
following  has  been  abstracted  by  Engineering  and  Contracting, 
Oct.  18,  191(j.  Ihe  first  figures  are  for  a  hydraulic  mine  in 
Northern  California. 

The  season  commenced  in  November,  1899,  and  ended  the  last 
of  July,  1900.  During  this  time,  655,657  miners'  "inches'  (an  inch 
equals  1,728  cu.  ft.  in  24  hr. )  of  water  were  used  for  piping,  and 
for  sweeping  the  bedrock  at  the  end  of  the  season.  From  actu?il 
surveys,  this  amount  of  waterwashed  dowii  1,251,399  cu.  ,yd.  of 
material,  consisting  of  pay  gravel  lying  on  the  bedrock,  and  vary- 
ing iu  thickness  from  a  few  inches  to  8  ft.,  and  practically  barren 
top  material,  consisting  of  mountain  slide,  carrying  considerable 
broken  rock,  clay  and  soil.  The  banks  varied  in  height  from, 
50  to  130  ft.,  the  average  height, being  63  ft.  The  grade  of  the 
sluices  was  7  in.  in  12  ft.,  the  boxes  being  paved  with  block  rif- 
fles 12  in.  deep.  Long  bedrock  cuts  extended  from  the  heads  of 
the  sluices  to  within  a  few  feet  of  the  banks,  and  were  kept  prac- 
tically to  grade  as  the  work  advanced.  At  first,  electric  drills 
were  used  on  this  work,  but  as  it  was  found  that  heavy  blasting 
shattered  the  rock  too  much,  and  caused  slips,*  tjiese  drills  were 
abandoned  and  hand  drilling  was  substituted.  The  total  cost 
($27,512  for  1,251,400  cu.  yd.)   was  made  up  as  follows: 

Per  cu.  yd. 
Care  of  ditch,  reservoir  and  siphon:    Labor,  $2,670; 

„     supplies,   $115    $0.00223 

Washing    (piping)    00192 

Drilling    in    bedrock    cuts:    Hand    drilling,    $1,050; 

electric,    $^69    00105 

Timbering  bedb-ock  cuts  00012 

Electric  lighting 00047 

Sluice  building  and  repairing:    Labor,   $1,045;    sup- 
plies,   $35 00086 

■     Blacksmithing    ; : .00051, 

Cleaning   up    : 00077 

Moving  pipes  and  giants  , 00071 

Breaking  rocks  and  clay 00490 

Clearing  ground  for  piping  (cutting  brush) 00012 

General  expenses,  watching  sluices  a-nd  odd  jobs  ...        .00250 

Supplies   used  in  mine    ..:.;.: ti... 00241 

Taxes,  office  expenses,  surveying,  salaries   ...........        .00341 

Total  per  cu.  yd $0.02198 

The  best  known  hydraulic  mine  in  California,  and  the  largest 
now  operating  in  the  world,  is  La  Grange  mine  in  Trinity  County. 
The  operating  company  now  has  a  water  system,  of  29  miles  of 
main  ditch,  flume,  tunnel,  and  siphon,  7  miles  of  30-in.  water-pipe 
line,  and  14  miles  of  auxiliary  ditch  not  now  in  use.  This  is  sup- 
plied with  all  necessary  reservoirs  and  connections  for  bringing  the 
water  to  the  face  of  the  pit,  and  with  the  dam  at  the  lower  lake 
represents   an   outlay   of   approximately   $700,000.     Twenty-eight 
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men,  including  the  boavding-houae  force,  are  employed  at  the  mine. 

The  method  of  operating  is  as  follows:  Water  is  brought' from 
the  mine  reservoirs  in  two  30-in.  pipe  lines  and  discharged  against 
the  gravel  bank  through  giants  under  a  head  of  600  ft.  Either' 
two  8-in.  or  one  8-in.  and  two  6-in.  nozzles  are  iised  at  one  time. 
Tljese  combinations  require  4,000  to  4,200.  miners'  inches  of  water, 
and  they  usually  empty  the  mine  reservoirs  in  six  hours.  The 
water  is  then  shut  oflF  from  the  pipes  and  the  res'ervoirt '  are  al- 
lowed to  fill,  requiring"  generally  fpiir  hours  when  the  full  head 
of  water  is  in,  the,  ditch :  during  this  time  the  pipe  men  drill  and 
blast  the  large  boulders  and  hard  pieces  of  cement  rpek  in  the 
pit. 

Boulders  of  1  ton  and  2  tons'  weight  at  times  pass  through 
the  sluice,  though  such  large  boulders  are  generally  blasted  in 
order  to  save  water.  The  cemented  gravel  is  disintegrated  usu- 
ally before  it  leaves  the  pit,  and  little  or  none  is  found  on  the 
dump.  At  the  usual  rate  of  operation,  the  pipes  wash  down  and 
send  to  the  sluice  1,000  cu.  yd.  of  material  per  hour.  '  The  sluice 
box  is  6  ft.  wide  by  ,5  ft.  deep  and  is  lined  with  40-lb.  steel  Tails 
set  transversely  5,  in.,  apart  on  the  bottoiri  and  longitudinally  on 
the  side  and  held  in  place  by  lugs  and  bo)ts.        ,  , 

Quicksilver  is  sprinkled  in  the  upper  part  of  the  sliiice  every 
few  days.  The  sluice  is  2,400  ft.  long.  The  great  length "  of 
sluice  is  necessary  to  carry  the  tailings  to  the  edge  of  the  dump. 
At  1,300  ft.  it  branches  into  two  parts  in  order! to  distribute  the 
debris  over  the  width  of  Oregon  Gulch.  Each  year  it  is  necessary 
to  add  about  50  ft.  to,  the  lower  end  of  each  branch.  The  amount 
added  to  the  upper  end  varies  with  the  slope  of  the  bedrock 
and  the  movement  of  the  gravel  mass. 

Working  costs  vary  for  different  seasons  from  2.8  to  3.5  ct. 
per  cu.  yd.,  the  percentage  of  cost  being  distributed  approximately 
as  follows :  ' 

Per  cent. 

Maintaining   ditch , 18 

Washing,,  gravel  piping    ' 9.' 

Sluice  maintenance    . , . . , , '25 

Breaking    bowlders    ' 9 

Pip.e 'lines  and  giants    , 7% 

Boads  and  buildings  ". 3^ 

Clean-ups     1 

Administration '....' 8% 

Taxes    ...'... 3 

Teaming 5 

Boarding' house   8 

Yarious 2% 

'  The  following  data,  including  average  operating  costs,  relate 
to  hydraulic  mining  at  Atlin,  B.  C,  for  the  seasons  1910  to 
1913: 
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Pit  1  Pit  2 

Possible  running  time,  days  per  season  184  180 

Aptual  running  time,  days  per  season   154  141 

Cubic  yards  worlsed  per  season   283,300  178,580 

Chibi(i  yards  per  day  per  season 1,540  992 

Cubic  yard^  per  day  for  time  running  j . . .  1,840  1,266 

,    Miners'  inches  used  per  day  4,500  4,250 

Yiirds  per  inch  per  day  of  running  time  . . .  0.41  -    .    0.30 

,,,  .    lAverage  depth  of  ground,  ft , 60%  16^ 

Average  cost  per  cubic  yards,  cents.f 

Pitl  Pit  2               ' 

Labor     7.34  13.29 

Powder ,.  1.40  1.96 

General  operations    2.18  3.03 

Ditch   maintenance    .22  ;.35 

General  expense    ., .44  .70 

Royalties,   rental,   etc .49  .64 

Total,   ct.  per  cu.  yd 12.07  20.01 

t  Boarding  house  included  in  labor.    "  General  operations  " 
,,  includes  .supplies,    teamsters,    blacksmiths    and   other  operat- 
ing expense  not  directly  chargeable  to  either  pit.    "  General 
./expenge  "' includes  traveling, 'df&ces,  etc. 

Costs  of  working  gravel  banks  with  water  jlnder  pressure  and 
elevating  the  material  with  hydraulic  elevators  will  vary  gi'eatly 
in  different  localities.  The  following  data  concern  hydraulic  min- 
ing at  the  River  Bend  mine. 

The  River  Bend  mine  is  on  the  Klamath  River,  Siskiyou 
County,  Cal.  The  water  is  obtained  from  two  sources;  one  ditch 
supplies  the  water  for  the  giant,  the  other  for  the  elevators. 
The  supply  system  includes  11  miles  of  ditches  and  li^  miles  of 
fliime. 

There  are  two  Joshua  Hendy  giants  with  33/^-in.  nozzles,  which- 
Consume  about  525  cu.  ft.  per  minute  working  at  an  effective  head 
of  90  to  100  ft.  A  Campbell  hydraulic  elevator  having  a  lOi^-in. 
throat  and  using  approximately  560  cu.  ft.  of  water  per  minute 
uilder  an  effective  head  of  325  ft.  raises  the  material  46  ft.  ver- 
tically. The  elevator  is  set  in  a  sump  10  ft.  deep  and  at  an  in- 
clination of  70°,  the  height  of  the  gravel  bank  being  30  ft. 
'  The  following  table  is  made  from  daily  averages  throughout  the 
season  of  1912-13.  The  working  costs  do  not  include  administra- 
tion charges. 

Cubic  yards  of  gravel  washed  per  day  417 

Cubic  feet  of  water  used  per  minute  for  giants  525 

Cubic  feet  of  water  used  per  minute  for  elevator'. 560 

Cubic  feet  of  gravel  lifted  per  minute  7.81 

Cubic  yards  of  gravel  washed  per  miner's  inch  (giant) 

water    ..*, i ^.....       1.19 

Grade  of  sluice,  inches  in  12  feet  7 

Operating  cost  per  cubic  yard,   not  including  admin- 
<  tration,   cents    ■, 8 

At  the  Logan  mine,  near  Waldo,  Ore.,  with  40  eU.  ft.  of  water 
a  second,  15,000  to'  30,6o(J  cu.  yd.  of  gravel  are  washed  per  nionthi ' 
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Four  giants  are.  ijsed,  two  in  the  pit  and  two  on  the  tailings 
dump;  ■  A  20-in.  hydrauliq,  elevator  with  two  lifts  elevates  the 
material  49  ft.  The  gravel  is  easily  vyashed,  there  are  no  large 
boulders,  arid  the  operating  expenses  are  said  to  be  only  3%  ct. 
per  cu.  yd.  under  exceedingly  favorable  conditions.' 

Hydraulic  Elevators.  A  hydraulic  elevator  is  an  "  ejector " 
used  to  raise  Water  and  gravel.  An  ample  supt)ly  of  water  and 
proper  means  for  rejecting  large  stones,  lumps  of  clay  and  dfibris 
are  essential.^  , 

Elevators  are  generally  arranged  in  a  sump  cut  in  the  bed- 
rock, and  the  gravel  from  the  monitors  is  washed  to  this  sump 
through  a  ground  sluice.  The  elevators  pick  up  the  gravel  and 
water  and  raise  it  froiri  the  sump  to  the  ground  sluice.  Large 
boulders  can  be  left  in-  place  and  the  bedrock  around  them 
cleaned  with  a  small  hand  nozzle. 

Hydraulic  elevators  consist  of  a  tube  into  which  a  jet  of  water 
is  introduced  under  pressure.  The  velocity  of  the  moving  jet 
of  water  acts  on  a  larger  body  of  water  and  gravel  introduced 
at  the  suction  end  of  the  tube  and  causes  it  to  be  discharged  at 
the  other  end. 

Grading  River  :^anks  with  a  Water  Jet.  The  following  de- 
scription of,  grading  a  sandy  river  bank  is  given  by  Taro  Tsuji 
in  Engineering  News,  Feb.  6,  1892. 

The  bank,  12  to  17  ft.  high  above  low  water,  was  graded  to  a 
slppe  of  2  horizontal  to  1  vertical.  The  plant  used  was  a  40-hp. 
boiler  and  a  simple  duplex  plunger  piimp,  with  a  stroke  of  10 
in.,  and  a  diameter  of  514  in.,  mounted  on  a  barge.  Tlie^water 
was  pumped  from  the  river  and  delivered  th|^ough  a  2l/^-in.  hose. 
The  jet,  varying  in  ariiount  from  230  to  260  gal.  per  min.,  under 
a  pressure  of  140  lb.  per  sq.  in.,  was  played  upon  the  bank.  The 
earth  was  removed  at  the  rate  of  35  to  40  ou.  yd.  per  hr.,  using 
10  lb.  of  coal  per  cu.  yd. 

This  method  was ,  etsonomioal  but  left  the  bank  in  a  rough  con- 
dition.    The  earth  was  dressed  by  pick  and  shovel.  1 

H..  St.  L.  Cpppge,  in,  Transactions  of  the  American  Sode^ty  of 
Civil  Engineers,  Vol.  35,  July,  1896,  describes  another  plant  con- 
structed in  1881  for  hydraulic  grading  of  the  river  banks  on  the 
Mississippi.  A  fire  pump  with  16l^  x  18-in.  cylinders  and  9-in. 
water  plungers,  having  two  4-in.  discharge  pipes,  and  a  42-in. 
x24-ft.  boiler,  were ,  placed  on  a  barge,  16  ft.  wide  by  98  ft. 
long  by  3.5  ft.  deep.  The  total  cost  of  the  plant  was  $3,679. 
This  plant  was  not  used. 

In  sluicing  the  bank  a  trench  was  first  cut  with  a  shovel  to 
the  required  angle  of  slope,  and  in  it  was  placed  a  continuous  line 
of  -vvooden  boxes  to  form, a. trough  from  the  top  of  the  bank  to  the 
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water  surface.  A  pump  used  for  sinking  piles  with  a  water  jet 
and  mounted  on  a  pile-driver  barge,  was  moored  near  the  trough 
and  supplied  its  upper  end  with  water.  Earth  was  excavated 
and  thrown  into  the  trough  by  shovels,  the  water  carrying  to 
the  river.  This  method  was  abandoned  for  work  on  a  larger  scale, 
the  water  being  used  to  wash  out  the  bank. , 

The  grader  used  in  1882  consisted  of  a  barge  110  ft.  long  Ijy  30 
ft.  wide  by  6  ft.  deep.  The"  pump  was  a  Blake  compound  cpn- 
densing,  with  double  plungers  each  16  x  24  in.  The  steam  cyl- 
inders, were  18  and  36  in.  in  diameter  by  24-in.  stroke.  The 
capacity  was  2,000  gal.  per'  min.  with  a  pump  pressure  of  160  lb. 
and  a  steam  pressure  of  80  lb.  per  sq.  i^.;  Steam, was  obtained 
from  three  boilers,  42  in.  by  26)  in.  in  size.  The  pumps  discharged 
into  a  14-in.  boom  pipe  having  twelve  4-in.  openings,  from  which 
lengths  of  2%-in.  rubber  hose  lead.  The  nozzles  were  1%  in.  in 
diameter. 

In  operation  the  boat  was  moored  to  the  bank  and  the  hose 
lead  to  within  8  ft.  of  a  guide  face  cut  in  the  bank.  The  nozzles, 
mounted  on  swivels,  were  each  worked  by  three;  men.  The  slope 
was  cut  a  little  ahead  at  the  upper  end;  the  reason  beings  that 
the  water  after  discharging  against  .the  bank,  ran  close  to  the 
lower  edge  of  the  face,  lielping  to  undercut  it.  A  4-in.  hose  and  a 
li4"in.  nozzle,  gave  the  best  results.  Banks  were  graded  to  a 
slope  of  2^4  *o  !■  Sand  and  light  deposits  were  easily  graded,  but 
clay  and  "  buckshot "  resisted  the  jet  for  some  time.  Witji  3 
nozzles  an  average-  of  1,300  cu.  yd.  was  removed  per  day  at ,  a 
cost  of  about  4  ct.  per  qu.  -yd.  Trimming  was  done  by  hand 
shovels.  , 

At  BuUerton  in  1883,  grading  cost  3  to  3.8  ct.  p^r  cu.  yd.,  3  men 
being  employed  to  each  nozzle. 

At  Plum  Point  1,800  to  4,000  cu.  yd.  were  moved  per  day  at  a 
cost  of  3  ct.  per  cu.  yd. 

In  sand  at  Lake  Providence  Reach  grading  cost  2%  to  31^  ct. 
per  cu.  yd.  The  engineer  in  charge  estimated  from  daily  ob- 
servations continued  over  a  month  that  to  excavate  1  cu.  yd.  of 
earth  required  a  fraction  less  than  1  cu.  yd.  of  water,  under  a 
pressure  of  140  lb.,  with  steam  pressure  at  80  lb.  and  a  vacuum 
of  26.5  in.  With  steam  pressure  at  80  lb.  it  required  3  lb.  of 
coal  per  cu.  yd.  of  water  thrown  or  earth  remoyed;  Shovel  grad- 
ing cost  30  qt.  per  cu.  yd.  At  New  Madrid  in  1893  grading. to  a 
3  to  1  slope  cost  3.8  ct.  per  cu.  yd. ' 

Mr.  Copp^e  gives  the  cost  of  a  typical  hydraulic  grading  plant 
with  all  hose  and  fixtures  at  .$20,000. 

Of  work  done  in  1889  on  the  Missouri  River  for  the  Chicagp 
&  Alton  Ry.,  W.  R.  De  Witt  in  Engineering  'News,  June  5^  1902, 


1038  HANDBOOK  0F  EARTH  EXCAVATION 

states  that  a  grading  force  of  1  engineman,  1  firemati,  1  wateh- 
nian,  1  iiozzleman,  and '2  laborers  graded  100  lin.  ft.  of  bank  br- 
800  cu.  yd.  of  earth  in  a  10-hr.  day,  under  average  conditions 
of  soil  and  velocity  of  current.  Labor  cost  $10.25  per  lin.  ft. 
of '  revetment  or  1.28  ct.  per  cu.  yd.,  and  fuel  and  enginemari's 
supplies  cost  $2.25  per  lin.  ft.  of  revetment  or  0.28  ct.  per  cu. 
yd.,  a  total  of  $12.50  per  lin.  ft.  or  1.56  ct.  per  cu.  yd. 

According  to  Engiilieering  News,  May  9,  1907,  at  about'  40  miles 
below  St.  Louis  3,444  cu.  yd.  were  removed  by  hydraulic  jets',  and 
44  cu.  yd.  were  surfaced  by  hand.  The  total  cost  was  2.5  ct. 
per  cu.  yd. 

D.  J.  Whittemore  gives  the  cost  per  cubifc  yard  of  grading  a 
bluff  on  the  Missouri  River  as  1  ct.  for  powder  plus  1.5  ct.  for 
labor  and  other  supplies.  The  bluff  was  100  to  180  ft.  high  and 
it  was  dangerous  to  employ  the  water  jet  without  having  at  all 
times  complete  control  of  avalanches.  This  was  secured  by  blast- 
ing down  iihe  bank  after  it  had  been  partially  undercut  Toy  the 

jet."         ^,    ''''"'       . 

According  to  Engineering  Newg,  July  29,  1915,  to  clear  the  river 
channel  of  the  Kaw  River,  Kansas,  during  high  water,  about  10,- 
OOO  to  15,000  cu.  yd.  of  earth  near  the  east  span  of  the  Union 
Pacific  Bridge  was  removed  in  a  very  short  time.  This  work  was 
accomplished  by  a  gang  of  eight  mep,  drilling  and  shooting  the 
dirt,  using  just  enough  409o  dynamite  to  allow  it  to-be  broken 
up  thoroughly.  As  soon  as  a  shot  had  been  set  off  at  one  end, 
a  fire  hose,  with  a  1%-in.  nozzle,  and  about  80  Ih.  nozzle  pressure, 
was  utilized  to  wasli  the  loose  earth' into  the  swift  current  of  th,e 
river.  Water  was  furnished  by  a  fire  engine  at  the  end  of  about 
1,000  ft.  of  hose.'-  The  river  current  was  flowing  at  the  rate  of 
about  8  to  10  ft.  per  second,  and  the  large  pieces  of  excavation 
detached  by  the  jet  of  water  were  quickly  washed  down  stream 
by  the  current.  The  entire  amount  was  removed  in  about  two 
days'  tjme,  at  a  very  low  cost. 

Stripping  Gravel  Pits  by  Hydraulic  Methods.  The  following  is 
an  abstriact'  of  an  article  by  W.  H.  Wilms  in  the  Railway  Age 
Gazette,  June  l8,  1915. 

During  the  past  ten  years  there  has  been  a  rapid  increase  in 
the  use  of  the  hydraulic  method  of  earth  removal.  Engineers 
are  just  beginning  to  appreciate  the  possibilities  of  this  method 
of  excavation,  and  the  next  decade  will  undoubtedly  witness  a 
still  greater  development  and  growth  in  hydraulic  excavation. 
The  filling  of  trestles  on  the  Northern  Pacific  and  the  Canadian 
Pacific  at  a  cost  of  from  4  to  13  ct.  per  cubic  yard;  the  re- 
moval of  34,000,000  yd.  of  material  in  the  regrading  of  Seattle, 
Wash.;  the  hydraulic  construction  of  large  embankments  on  the 
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Pacific  coast  extension  of  the  Chicago,  Milwaukee  and  St.  Paul; 
and  the  more  recent  construction  of  the  Fernando  dam  of  the 
Los  Angeles  aqueduct,  where  about  2,000,000  yd.  of  earth  were 
sluiced  at  a  total  cost  of  7  ct.  per  yard  are  recent  examples. 
The  remarkable  results  obtained  in  these  cases  seem  to  be  Uttle 
realized  or  appreciated  by  many  engineers  unacquainted  with  this 
class  of  work. 

A  comparatively  large  field  for  this,  method  lof  earth  ex- 
cavation is  in  stripping  the  overburden  of  gravel  ballast  pits' 
and  stone  quarries.  Conditions  about  a  gravel  pit  are  quite 
often  favorable  to  the  hydraulic, ,  methpd  of  stripping.  The  soil 
is  generally  a  loam  or  soft  clay  that  can  be  handled  very  ef- 
fectively with  water.  A  great  many  gravel  deposits  are  either 
very  close  to  a  stream  or  river  or  underlaid  with  water,  an 
ample  supply  of  water  thus  being  assured.  The  sluiced  ma- 
terial can  also  be  dumped  in  many  cases  into  the  abandoned  or 
worked-out  portions  of  the  pit.  Where  this  is  possible,  ample 
dumping ,  grounds  and  sufficient  grades  for  the  flumes  are  gen- 
erally assured.  If  the  stripping  is  shallow,  not  exceeding  3  ft.  in 
depth,  and  a  large  daily  output  or  yardage  is  desired,  the  hy- 
draulic method  should  be  adopted  with  a  great  deal  of  caution. 

Duty  of  the  Water  and  Size  of  Installation.  The  amount  of 
water  necessary  to  move  one  cubic  yard  of  material  depends  upon 
th,e  grade  of  the  flumes,  the  character, of  thp  material  and  to  a 
more  or  less  extent  upon  the  pressure  qf  water  available.  The 
quantity  of  water  is  of  more  importance  than  the  pressure.  Com- 
paratively light  grades  can  be  used  .for  the  flumes  if  a  sufficient 
quantity  of  water  is  present,  to  effect  complete  suspension.  CUy 
requires  more  water,  greater  pressure  and  greater  flume  grad^p 
to  handle  than  ordinary  loam,  or  dirt.  The  amount  and  si?e,  of 
rocks,  if  any,  also  affects  appreciably  the  duty  or  carrying  ca- 
pacity, of  the  water.  It  may  be  said,  Ijowever,  that  as  a  mini- 
mum, with  ordinary  loam  or  soft  clay  and  flume  grades  of  7  to 
9%,  10  cu.  yd.  of  water  are  required  to  move  1  cu.  yd.  of  ma- 
terial. As  a  basis  fpr  an  estimate,  however,  ,  it, i^  generally  noj. 
advisable  to  depend  upon,  a  greater  percentage  of  spoil  tjiaii  ;15% 
for  loam  or  dirt  with  the  usual  fluine  grades  of  7  to  9%.  For 
soft  clay  and  heavy,  sticky  loam,  10  to  12%  can' be  considered  a 
safe  estimate  where. 7  to  9.%  grades  can  be,  obtained.  The  above 
duties  are  based  upon  a  flow  of  1,000  gal.  per  min.,  which  is  the 
minimum  discharge  advisable  for  hydraulicking. 

In  stripping  gravel  deposits  a  considerable  amount  of  water 
is  lost  ]tpy  flowing  down  into  the  grave;!,  which  must  often  be 
considered  in  estimating  the  necessary  water  supply.  If  the  top 
stratum  of  the  gravel  deposit  is  a  ,sand  or  compact  gravel,  this 
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loss    is    geiierally    insignificant,    amounting    to    only    2    or    3%.- 
If,  however,  the  top  stratum  is  a  coarse,  loose  gravel,  the  loss 
from  this  source  ma;y  be  as  high  as  10%. 

A  pressure  of  from  40  to  60  lb.  per  sq.  in.  at  the  nozzle  is 
usually  sufficient  for  the  sluicing  of  loam  or  dirt.  For  soft  clay 
and  some- heavy  loams,  60  to  80  lb.  pressure  is  usually  required. 
A  pump  having  a  capacity  less  than  1,000  gal.  per  min.  should 
not  be  installed.  A  1,500-gal.  discharge  would  be  more  efficient, 
and  for  the  ordinary  installation  is  to  be  preferred.  With  such 
a  discharge,  using  two  nbzztes,  and  with  favorable  grades,  it 
should  be  possible  to  sluice  from  450  to  700  eu.  yd.  of  material 
per  day  of  10  liT.  A  crew  ordinarily  required  for  such  an  instal- 
lation consists  of  one  pumper  or  engineman;  two  pipemen;  one 
assistant  to  the  pipemeri;  three  laborers  a:nd  a  foreman  tearing 
down  and  erecting  flumes;  and  one  laborer  on  the  dump. 

Flumes.  The  water  supply,^  the  character  of  the  overburden 
and  the  fall  available  to  the  dump  determine  the  grades  of  the 
flumes.  In  the  stripping  of  gravel  pits  where  the  excavated 
space  is  used  -as  a  dumping  ground,  ample  grades  for  the  flumes 
are  generally  assured.  Full  advantage,  however,  should  be  taken 
of  all  the  fall  available,  a  dift'erence  of  only  1%  in  the  grade 
of  the  flume  efi'ecting  a  great  dift'erence  in  the  carrying  capacity 
or  duty  of  the  Water.  Where  the  available  fall  makes  necessary 
the  use  of  low  flume  grades  much  larger  quantities  of  water  are 
required  to  effect  complete  suspension  of  the  material.  For 
stripping,  grades  lower  than  6%  should  not  be  used.  Where  3% 
and  4%  are  the  maximum  that  can  be  used,  the  quantity  of  water 
necessary  for  the  operation  of  such  low  grades  is  so  great  that 
hydraulicking  fails  to  show  any  great  economy  over  other 
methods.  VVhile  it  is  true  that  grades  as  low  as  3  and  4%  are 
often  used  in  large  hydraulic  mining  operations,  it  should  be  re- 
membered that  in  such  operations  the  flume  grades  must  be  kept 
comparatively  low,  so  that  the  velocity  of  the  water  will  not 
be  so  great  as  to  prevent  the  gold  from  settling  in  the  riffles  in 
the  bottom  of  the  flume.  The  object  here  is  to  use  sufficient  water 
to  transport  the  gold  bearing  gravel  and  fliune  grades  that  will 
not  cause  excessive  velocities.  It  is  because  of  this  fact  that  the 
carrying  capacity  of  water  in  hydraulic  mining  is  very  low,  the 
material  excavated  amounting  to  only  about  2  to  6%  of  the 
water  used. 

Where  copditions  will  permit,  the  flume  grade  should  be  at 
least  7%;  8  to  JOYo  grades  with  an  abundant  supply  of  water 
are  considered  very  satisfactory  grades,  and  are  usually  obtain- 
able in  stripping  operations  where  the  material  is  sluiced  into 
the  worked-out  portions  of  the  pit.     These  remarks  apply  only  to 
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box  flumes.  Where  ground  sluices  are  used  considerably  heavier 
grades  must  be  used,  as  they  are  very  likely  to  become  clogged 
up  from  roots,  gravel,  sticks  and  pieces  of  sod.  In  such  cases 
use  flume  boxes  in  these  open  sluices  as  shown  in  Fig.  15-8.     The 
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Fig.   14.     Flume   Construction  for   Stripping  Gravel   Pits. 
SI,  etches   1-4. 

time  required  to  place  them  will  be  but  a  fraction  of  that  lost  in 
continually  cleaning  out  the  open  ditch. 

Flume  grades  should  be  made  as  uniform  as  possible.  A  slight 
b^eak  in  the  grade  will  often  cause  clogging,  especially  if  a  sandy 
loam  is  being  handled.     Abrupt  changes  in  the  alinement  of  the 
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Fig,   15.     Flume   Construction  for   Stripping   Gravel  Pita. 
Sketches  5  to  8. 
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flumes  are  best  made  by  making  a  break  or  drop  in  the  flume 
grade.  ~ 

Sand  requires  heavy  grades  and  ghallow  sluices.  Wide,  shal- 
low sluices  should  be.  used  where  the.  grades  are  light.  If  (tjie 
overburden  contains  many  stones  and  boulders  deep,  narrow 
sluices  should  be  used.  In  this  case,  the  depth  of  the  water  in 
the  flume  should  be. equal  to  the  width  of  the  flunje.  The  width 
and  depth  of  flumes  depends  lai^gely  upon  the  character  of  the 
materials  as  well  as  the  water  supply. 

The  rectangular  section  for  flumeg  is  generally  to  be  pre- 
ferred to  the  semi-circular  or ,  elliptical  section.  ,  A  large  ai^ipunt 
of  the  material  carri^4  by  the  water  trayels  or  rolls  on  the,  bot- 
tom of  the  flume.^  Where  the  circular  section  has  been  used  the 
wear  on  the  flume  has  been  cpnfined  to  a  relatively  small  area 
in  the  lowest  part  of  the  sectipn.  Where  stones  or  gritty  ma- 
terial are  present  in  the  overburden  this  wear  becomes  excessive, 
the  metal  wearing  through,  and  becoming  full  of  holes  in  a 
very  short  tirpe.  With  the  square  or  rectangular  section,  how- 
ever, {he  weaii  is  quite  evenly  distributed  oyer  the  bottom,  re- 
sulting in  a  much  longer  life  of  the  flume. 

In  order  ,that  the  flumes  may  be  easily  and  quickly  erected 
and.  taken  ido,wn  they  should  be  built  in  sections  or  boxes  frQiii 
10  to  12  ft.  long.  Both  wooden  and  mental  flumes  are  used. 
Wooden  flume  bojces  have  proven  very  unsa,ti8factory  for  strip- 
ping service,  as  they  quickjy  become  water  soaked  and  heavy, 
a,n,d  when  dried  o^t,  check  and  split  badly.  Moreover,  in  the 
constant  rehandUng  of  the  flume  boxes,  they  go  to  pieces  very 
soon.  In  stripping,  flumes  are  changed  many  times  a,nd  a  flume 
box  shquld  be  built  that  will  not  only  stand  the  excessive  weaj 
and  abrasion  of  the  material  being  carried,  but  the ,  rough  and 
constant  handling  as  well.  For  this  service  the  metal  flume  is 
^probably  the  best  suited.  Fig.  J4f-1  is  a  sketch  of  a  steel  box 
flume  that  ha,s  given  very  good  service.  This  flume  is  constructed 
of  No.   l4  gage  ._steel,  and  is  made  in  sections   12  ft,  long. 

It  sometimes  becomes  necessary  to  carry  the  sluiceway  or  flume 
through  an  intervening  ridge  to  obtain  a  dumping  ground  for  the 
sluiped  material.  If  the  tunnel  has  a  heavy  grade,  vitrifled  sewer 
pipe  will  prove  sa,tilsfactory.  If  the  grade  is  light,  however,  any 
slight  settlement  of  the  pipe  joints  is  liable  to  cause  clogging.. 
Under  such  condition^  riveted ,  stpel  pipe  in  lengthg  of ,  20^  ft. 
or  more  has  given,  very  satisfa,ctory.  results.  ,  Pipe  No.  .16 -to 
No.  14  gage  steel  has  been  used  for  this  purpose.     ,,   ; 

Stripping  Shale  in  Illinois.  Tlie,.  .shale  ledge  worked .  by  .the 
\yp3tern  Brick-Co.,  of  Danville,  111.,  i,s  covered  with, from  3  to  6  ft. 
of  loamy  sand  and  gravel,  which  is  stripped  and  carried  away  by 
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means  of  hydraulic  gianta  at  a  cost  of  about  2  ct.  per  cu.  yd. 
From  information  furnished  by  F.  W.  Butterworth,  the  general 
manager  of  the  company,  the  following  description  of  the  plant 
and  of  the  methods  of  operation  is  given  by  Engineering  and 
Contracting,  Aug.  15,  1906. 

Water  is  brought  to  the  giants  from  the  pumping  station 
through  a  10-in.  pipe  which  is  now  about  4,000  ft.  long.  This  pipe 
is  kept  extended  to  a  point  somewhere  near  the  bank  where  it  is 
tapped  with  two  4-in.  pipe  connections  which  extend  to  within 
from  20  ft.  to  50  ft.  of  the  working  face  "and  end  in  4-in.  hose 
carrying  214-in.  nozzles.  The  nozzles  are  fitted  with  adjustable 
needle  points,  which  permit  a  variation  from  1^  in.  to  1%  in.  in 
the  stream.  The  pressure  at  -the  nozzle  is  normally  75  lb.  per 
sq.  in.,  but  it  may  be  doubled  when  desired.  The  water  is  fur- 
nished by  a  compound  duplex  Smith-Vaile  steam  piunp,  with  a 
16-in.  water  end  and  l^-iii.  and  24-in.  steam  ends.  The  pump 
is  located  on  the  bank  of  the  Vermillion  River,  which  passes 
through  the  shale  bed,  and  it  takes  steam  from  a  72-in.  x  16-ft. 
tubular  boiler  located  in  a  house  on  the  crest  of  the  river  bank 
and  some  distance  away.  Because  of  the  separate  boiler  and  en- 
gine houses  a  fireman  and  engineer  are  required ;  were  the  en- 
gine and  boiler  in  one  building  the  engineer  could  do  his  own 
firing.  It  is  to  be  noted  further  that  the  steam  connections  are 
so  arranged  that  live  steam  can  be  turned  into  the  low  pressure 
cylinder ;  this  enables  the  water  pressure  to  be  jumped  up  to 
150  lb.  per  sq.  in.  at  the  nozzle  when  hard  material  is  encoun- 
tered.   Normally  the  pump  pressure  is  kept  at  115  lb. 

Two  giants  are  worked,  each  operated  by  one  man,  and  there 
are  in  addition  a  fireman  and  an  engineer,  making  a  labor  force  of 
four  men  in  all.  These  men  get  $2  per  10-hr.  day.  On  the  aver- 
age about  2,000  cu.  yd.  are  moved  every  10  hr.  This  gives  a 
labor  cost  of  0.4  ct.  per  cu.  yd.  for  excavating  and  transporting." 
The  material  is  carried  away  in  sluices,  and  it  has  been  found 
easily  possible  to  handle  it  1,600  ft.  in  this  manner  on  grades 
of  3%.  Including  costs  of  pumping,  sluices,  etc.,  the  total  cost 
has  not  exceeded  2  ct.  per  cu.  yd.  moved  during  the  four  years 
that  the  process  has  been  used.  The  cost  of  stripping  is  made 
more  expensive  than  'ordinary  excavation  owing  to  the  fact  that 
the  shale  has  to  be  perfectly  cleaned  by  holding"  the  stream  on  it 
after  the  earth  has  been  practically  all  removed. 

Stripping  Shale  in  Iowa.  Engineering  and  Contracting,  Apr. 
19,  1911,  gives  the  following: 

The  shale  pit  is  about  IjSOO  ft.  from  the  Raccoon  River  in  Des 
Moines,  la.     The  nearest  building  of  the  plant  itself  to  the  shale 
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pit  is  the  pan  room,  150  ft.  away.  The  pan  room, floor  is  9  ft. 
above  the  floor  of  the  pit.  There  is  no  place  near  the  pit  to  which 
the  over-burden  might  be  moved,  and  it  became  necessary  to  de- 
vise a  scheme  for  carrying  the  material  some  1,100  or  1,200 
ft.  to  a  tract  of  low  ground. 

The  hydraulic  plant  consists  of  a  14  and  20,  10^4  x  15,  Worth- 
ington  compound  duplex  outside  packed  plunger  pump,  steam  for 
which  is  furnished  by  a  75-hp.  horizontal  fire  tubular  boiler.  The 
pump  has  8-in.  suction,  7-in.  discharge,  2^-in.  exhaust  steam,  and 
5-in.  'exhaust.  At  the  entrance  to  the  pump  the  suction  line 
carries  a  vacuum  chamber  12  ft.  high,  8  in.  in  diameter,  with  a 
vacuum  gage.  The  pump  is  operated  at  40  revolutions  per  min- 
ute ( 80  lb.  steam ) .  That  portion  of  the  8-in.  line  which  runs 
between  the  river  and  river  banl<  is  carried  on  two  floats  and  is 
connected  to  the  line  at  the  river  bank  by  a  rubber  sleeve  se- 
curely clamped.  The  7-in.  discharge  line  carries  a  gate  valve  at 
the  pump  and  a  pressure  gage. 

Two  leads  of  hose  are  carried  from  5-in.  line  by  a  Siamese  con- 
nection. Each  lead  is  operated  by  one  man.  This  is  possible 
by  reason  of  a  standard  to  which  the  play  pipe  is  rigidly  at- 
tached, and  which  is  susceptible  of  both  a  vertical  and  horizontal 
motion.     Each  lead  of  hose  terminates  in  a  %-in.  nozzle. 

The  6-in.  spiral  pipe  is  connected  to  a  6  to  12-in.  spiral  in- 
creaser,  flat  on  the  bottom.  Above  this  increaser  are  three  10-ft. 
lengths  of  12-in.  spiral  pipe,  which  afl'ord  a  reservoir  to  the  6-in. 
spiral  pipe.  The  spiral  pipe  is  susceptible  of  easy  bends.  There 
are  two  45°  ells  in  the  spiral  pipe  line.  The  spiral  pipe  is  car- 
ried through  a  12-in.  cast  iron  pipe  under  the  C.  6.  W.  tracks. 
The  cast  iron  pipe  terminates  in  three  lengths  of  12-in.  sewer 
pipe. 

The  pump-house  was  located  about  655  ft.  from  the  river  bank, 
and  so  planned  that  the  lift  from  the  river  would  amount  to 
less  than  18  ft.  at  extreme  low  water.  It  was  decided  to  install 
a  pump  sufficiently  large  to  handle  the  requisite  amount  of  water 
without  injury  to  the  pump,  at  the  same  time  Insuring  fuel 
economy.  The  diflicult  problem,  of  course,  was  the  determination 
of  the  character  of  sluiceway  which  would  carry  away  the  ma- 
terial from  the  pit  and  place  it.  For  only  a  short  distance  could 
the  sluiceway  be  carried  above  ground. 

An  experimental  line  of  12-in.  sewer  pipe  was  tried  with  much 
misgiving.  True  to  prophecy,  it  was  impracticable,  requiring 
long  periods  of  flushing,  and  thus  reducing  the  efficiency  of  the 
plant  in  that  only  a  small  amount  of  stripping  could  be  done  in 
a  day.     This  line  was  one  already  in  place,  it  being  used  as  a 
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drainage  sewer  to  carry  oflf  storm  water,  drips,  etc.,  from  the  pit 
and ,  from  the  plant.  The  sewer  line  goulji  dispose  of  clay  or 
earth  in  solution  or  gravel,  but  it  was  absolutely  impracticable 
in  the  disposition  of  sand.  The  sand  would  settle  to  the  bottom 
of  the  pipe,  requiring  hours  to  remove  it. 

'  Because  of  the  large  proportion  of  sand  in  the  overbuirden, 
much  more  than  is  apparent  from  a  casual  observation,  it  be- 
came necessary  to  devise  a  sluiceway  which  would  insure  greater 
velocity  to  the  effluent  and  at  the  same  time  agitate  the  sand  dur- 
ing its  flow.  A  6-in.  spiral  pipe  line  was  decided  upon  and  in- 
stalled. It  works  splendidly.  This  line  has  become- clogged  only 
twice.  The  plant  has  been  in  operation  since  May  1,  and  since 
that  time  to  Nov.  1  there  has,  been,  moved  about  50,000  cu.  yd. 
of  overburden. 

The  followiag  are  the  principal  data  relating  to  the  pipe  lines: 

8-in.  Suction  Line: 

Elevation  extreme  low  water  ,. ,. ..         80.0 

Elevation    bottom    8-in.    pipe    at    intersection    with 

pwmp    house , 93.66 

Elevation  top   of  pump  foundation    , 97.1 

Elevation  entrance  to  pump  ' . .  i 1 97.6 

Extreme  total  lift  of  suction   17.6 

Length  of  suction  line  from  pump  to  river  bank  (ft.)  655 

Total  length  of  line  (ft.)   690 

Grade  from  pump  house  to  river  bank  (per  cent.)...  1.67 

7-in.  Discharge  Line  (Water  Line) ; 

Total  present  length   (ft.) 1,080 

Elevation  at  pump^ 100.75 

Elevation  at  discharge    161.0 

Total  lift  of  discharge  60.25 

6-in.  Spiral  Pipe   (Hydraulic  SeTver) : 

■    •  Total  present; length  ((ft.)'  ....' ;l 1,090 

Elevation  of  intake  (station  1,065)   140 

,  Elevation  of  station  729   109.67 

Elevation  of  station  376  (45°  bend)   i . 103.6 

Elevation  of  station  025  (45°.  bend)   101.45 

Elevation  of  station  000  (outlet)    101.25 

The  work  accomplished  and  its  coat  were  as  follows:  Total 
volume  of  water  per  minute  at  20  complete  revolutions  of  each 
piston  rod  equals  428.8  gal.  Total  volume  per  day  of  9  hr.  equals 
231,552  gal.,  equals  1,146.6  yd.  Total  effluent  per  day  equals 
1,432.5  cii,  yd.  Of  this,  conservatively,  20%  is  solid  materitil, 
thus  giving  286.5  cu.  yd.  overburden  disposed  of  per  day  of  9  hr. 
Samples  of  effluent  are  taken  every  hour  and  percentage'  measured. 

Boiler   fireman : $2.26 

"Man  at  intake  1.50 

One  man  at  nozzle  ;  2.00 

One  man  at  nozzle >..; 1.80 

Total  labor  per  day  $7.55 
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Fuel,  m  tons,  at  $1.50 $2  25 

Oi\ 0.15 

Maintenance    and   supplies,    including   hose,    new   pipe,  '  ' 

etc.    ...,.........: ....: 10.85 

Total  coat  per  day . .  jlO.80 

At  286.5  cu.  yd.  per  day,  it  follows  that  the  cost  of  stripping- 
and  placing  is  about  3%  et.  per  cii.  yd. 

Stripping  a  ftuarry.  The  following  data)  are  giyen  in  Engi- 
neering and  Contracting,  Mar.  I,  1911,  regarding  the  method  us^d 
for  stripping  the  limestone  rock  at  the  quarry  of  the  Mathews 
Stone  Co.,  Bloomington,  111. 

The  dejith  of  quarry  stone  being  25  ft.  an  area  is  cleared  suf- 
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Fig.  16.     Glazier  Turret  Nozzle  Hydraulic  Monitor. 

ficient  for  a  season's  work,  the  overlying  soil  being  each  year 
washed  into  the  quarry  pit  left  by  the  previous  season's  work. 
To  keep  the  new  and  old  pits  separate  a  dividing  wall  of  rock 
is  left  unquarried!     The  floor  area  of  the  pits'  is  about  100  x  120 

ft,';  ■'.      ,        ,  ■"''  '■  ■  ■  '         '■■         "'  ■       ■■ 

The  equipment  employed  consists  of  a  100  hf)'.'  boiler  deliver- 
ing steam  at  100  lb.  pressure  to  a  compound  'duplex  punip  having 
10  X  12-Jn.  and  12  x  18-in.  steam  cylinders,  and  12  x  18-in.  water 
cylinders,  and  of  7-in.  pipe  reduced  to  4  in.,  with  4-in.  flexible 
joints  and  a  Glazier  turret  noz?le,  Fig.  16,         . 

In  front  of  the  quarry  floor  is  a  large  hole,  30  ft.  deep,  and 
120  by  150  ft.  in  extent.     The  overburden  of  the  quarry  is  washed 
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into  this  hole  by  water  from  the  hydraulic  monitor.  The  water 
then  overflows  into  another  hole,  and  at  this  point- the  pump  is 
located.'  The  monitor  is  operated  at  a  point  about  10  ft.  from 
the  edge  of  the  earth,  one  man  being  required.  The  water  is 
directed  so  as  to  undercut  the  bank,  and  wash  the  earth  to  the 
sump.  At  the  same  time  the  seams  of  the  rock  are  cleaned, 
and  after  a  floor  Jias  been  quarried  off,  the  debris,  such  as  spalls 
and  dirt,  is  washed  off  also.  The  earth  is  hard  red  day,  of  such 
a  nature  as  to  rec[uire  picking  for  hand  excavation.  The  over- 
burden is  removed  in  strips  10  ft^  wide.  When  the  monitor  is 
moved,  the  pump  is  shut  down  and  the  engineman  helps  to  relo- 
cate the  monitor.  The  cost  of  operation  is  the  cost  of  the  wages 
of  three  men,  and  the  cost  of  coal  and  oil. 

Removing  a  Land  Slide  by  Hydraulic  Jetting.  The  following 
is  given  by  W.  G.  Curt  in  Trans.  Am.  Soc.  C.  E.,  vol.  24. 

A  land  slip  blocked  the  mouth  of  a  tunnel  on  the  Southern  Pa- 
cific R.  R.  in  California.  The  slide  was  almost  entirely  removed 
by  wheelbarrows  in  5,500  man-days  of  11  hr.  each,  when  another 
heavy  rain  and  snow  storm  caused  a  second  slide  of  as  large  a 
quantity  as  the  first.  Falling  stones  and  earth  and  the  soft  na- 
ture of  the  material  prevented  a  further  use  of  wheelbarrows  and 
the  -material  was  removed  with  a  hydraulic  jet. 

Twelve  ordinary  standard  "  surface "  steam  pumps  in  a  gang 
discharged  3,300  gal.  per  min.  (16.5  cu.  yd.).  They  were  set  in 
a  line  100  ft.  from  the  river  aiid  15  ft.  above  it.  Steam  was 
supplied  by  3  locomotives.  The  discharges  led  into  a  12-in.  pipe, 
one  end  of  which  was  connected  to  a  circular  air  chamber  60  in. 
diameter  by  96  in.  high.  This  gave  a  steady  stream.  From 
the  air  chamber  sheet  iron  pipe  (No.  12  Birmingham  gage)  in 
30-ft.  sections,  carried  the  water  to  the  monitor.  The  ends  of 
the  pipe  were  slid  into' one" another  and  pushed  tight,  or  "stove-  , 
piped."  The  giant  was  fitted  with  a  3  or  4-in.  nozzle,  according 
to  the  nature  of  the  material.  The  material  was  carried  in 
wooden  sluices  to  the  river. 

In  9  days  9,000  cu.  yd.  were  moved  at  the  rate  of  1,000  cu.  yd. 
per  day  of  24  hr.  The  water  required  was  about  2,000  gal.  per 
min.  (10  cu.  yd.)  at  a  pressure  of  45  to  50  lb.  Each  miner's  inch 
(1,728  cu.  ft.  or  64  cu.  yd.  in  24  hr.)  moved  5  cu.  yd.  This  is 
somewhat  less  water  than  is  required  in  mining  operations.  The 
cost  was  as  follows  per  24-hr.  day: 

25  cords  of  wood  at  $3   .,. $  75 

8'fi3?emen  and  pumpers  20 

Machinists   and  repairers    25 

Men  operating  giant  (high  wages)   20 

30  laborers     50 

Total  at  20  ct.  per  cu.  yd |200 
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A  steam  shovel  could  not  have  been  used  economically,  both 
because  of  the  danger  from  falling  rocks  and  because  of  the 
lack  of  room  for  switching  cars. 

Hethods  and  Cost  of  Hydraulicking  on  the  f  anama  Canal. 
Engineering  and  Contracting,  Mar.  1,  1911,  gives  the  following: 

The  channel  of  the  Panama  Canal  for  a  length  of  about  1% 
miles  south  of  the  Miraflores  Locks  requires  the  excavation  of 
about  1,500,000  cu.  yd.  of  rock  covered  with  8,158,000  cu.  yd.  of 
earth.  To  remove  these  materials  by  dredgiag  and  subaqueous 
rock  excavating  methods  would  necessitate  a  plant  of  such  size 
that  it  could  not  be  assembled  for  some  time  and  would  be  very 
costly.  Investigation  indicated  that  once  tjie  rock  were  cleared 
of  its  earth  overburden  it  could  be  excavated  more  rapidly  by 
steam  shovels  than  in  any  other  way.  Steam  shove]  plant  was 
not  available,  however,  to  strip  off  the  earth  as  rapidly  as  the 
progress  required  demanded,  and,  moreover,  the  swampy  nature  of 
the  earth  made  it  certain  that  the  maintenance  of  tracks  would 
be  difficult  and  expensive.  To  meet  the  conditions  most  cheaply 
and  expeditiously  it  was  decided  to  remove  the  overburden  by 
hydraulicking  and  pumping,  and  then  excavate  the  rock  in  the  dry 
by  steam  shovels. 

By  the  method  of  excavation  indicated  for  removing  the  over- 
burden two  principal  operations  were  involved :  ( 1 )  disinte- 
grating the  material  and  washing  it  to  sumps  by  means  of  water 
jets  under  high  pressure;  (2)  lifting  and  conveying  the  loosened 
material  through  flumes  by  means  of  dredging  pumps.  The  plant 
required,  therefore,  consisted  of  (1)  a  central  pumping  station, 
(2)  pipe  lines  and  hydraulic  monitors  and   (3)   dredging  pumps. 

A  portion  of  the  area  to  be  excavated  was  originally  occupied 
by  the  bed  of  the  Rio  Grande.  The  river  was  diverted -and  a 
dike  built  across  the  south  end  to  prevent  the  tide  water  from 
flowing  up  the  old  bed.  Upon  the  completion!  of  the  dike  the 
water  remaining  in  the  inclosure  was  pumped  out  until  just 
enough  remained  to  float  the  barges  in  the"  lowest  places.  The 
giants  were  operated  in  the  immediate  yioinity  of  the  barges  so 
as  to  lower  them  to  bed  rock,  thus  forming  a  sump  for  the  suc- 
tions of  each  dredging  pump.  The  regular  operation  of  under- 
cutting and  washing  the  material  to  the  dredging  pumps  by 
means  of  the  monitors  was  begun,  the  cutting  being  extended 
until  there  was  sufficient  slope  to  sluice  the  material  to  the  dredg- 
ing units;  the  water  would  then  be  allowed  to  rise  high  enough 
to  float  fhe  barges  to  new  ppsitions. 

During  the  three  months  up  to  Jan.  1,  1911,  that  the  plant 
described  was  in  operation  the  amount  of  excavation  was  156,125 
cu.  yd.  and  its  cost  was  as  follows:  ' 
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.;■;-    ;,.-  .  Pt. 

■:,       (,,  Pumping  station    • ■  12.5 

Pipe  lines '. |-5 

Dredging   pumps    8.2 

■  ■.'■  Relay   pumps  • , 0.5 

Dykes     ^ • Jj 

Maintenance   of  equipment   s.2 

,  Power     ,. , 25.2 

Plant  arbitrary 5.0 

Division   expense    ; 1-^ 

Total  division  cost   .'..;.'. 66.7 

■  Administration  and  general  expenses ,  4.6   ,. 

Total  per  cu.  yd 71.3 

Excavating  a  Canal  by  Hydraulicking.  At  Seattle,  Wash., 
part  of ;  the  waterway  for  a  canal  jvas  excavated  with  a  hydraulic 
monitor.  The  canal  was  designed  to  have  a  length  of  ,  about 
2  miles,  a  width  at  bottom  6f  60  ft.  and  atlow  water  mark  pf 
140  ft.,  and:  a  minimum  depth  of  35  ft.  The  following  details 
of  the  worli  were  given  by  C.  H.  Rollins  in  a  paper  read  before 
the  Pacific  Northwest  Society -of  Engineers,  abstracted,  in  Engi- 
neering Record,  Nov.  12,  1904. 

The  water  was  obtained  from  a  reservoir  belonging  to  the 
city  waterworks  system,  about  a  mile  distant.  The  avail.able 
head  varied  from  190  to  250  ft.  Wood-stave  pipes,  30  and  18  in. 
in  diameter,  and  a  15-in.  steel^  pipe  at  the  end,  were  used  for 
conveying  the  water  to  the  monitor.  , , 

The  material  removed  was  of  glacial  formation,  consisting '  of 
sand,  gravel,  boulders,  and  various  clays.  Light  blasting  was 
sometimes  required.  The  quantity  of  water  required  varied 
between  10,000,000  and  15,000,000  gal.  per  24  hr.  About  3,000 
cu.  yd.  was  removed  daily,  using  a  6-in.  nozzle.  ; 

The  excavated  material  was  used  for  reclaiming '  a  tract  of 
land  that  was  submerged  at  high  tide.  Most  of  the  material 
was  carried  from  the  pit,  to  the  dump  through  a  flume  on  a 
trestle.  The  minimum  slope,  found  de0ira,ble  was  2.6%  The 
flume  was  lined  with  wooden  blocks,  10  to  12  in.  thick,  set  with 
the  grain  on  end.  ,  The  material  was  spread  on  the  dump  by  the 
use  of  shear  boards  and  muck  rakes. 

To  reach  positions  of  the  dump  that  could  not  be  filled  by  the 
use  of  flumes,  penstocks  and  pipe  lines  were  tried.  ,,^hia  .la,tter 
method  has  the  advantage  of  possessing  greater  flexibility  of  di- 
rection and  lower  cost  of  construction.  One  vertical  penstock, 
20  by  30  in.  inside  and  66  ft.  high,  was  constructed  to  receive 
the  entire  discharge  from  the  flume.  It  was  constructed  of  3-in 
plank,  but  after  three  weeks'  use  the  upper  20  ft.  was  so  worp  by 
the;  discharge  from  the  flume  that  it  had  to  be  lin«d  wiui  wooden 
blocks.     The  head   used   was   about   two-thirds   of   the   a\tailable 
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head  of  66  ft.,  and  the  material  could  be  conveyed  through  2,200 
ft.  tof  pipe.  Another  penstock  elbping  at  an  angle  of  45°  gave 
a  head  of  20  ft.  Heavy  Material  was  distributed  from  this 
through  a  pipe  line  800  ft.  long. 

Cleaninir  Sediment  from  a  Reservoir.  Engineering  and  Gon- 
Praoting,  Apr.  6,  1910,  gives  the  following: 

Reservoir  No.  1  of  the  Cincinnati,  C,  water  works  had  been,  in 
constant  service  for  over  two  years.  It  was  taken  out  of  service 
on  March  20,  1909,  and  allowed  to  stand  for  4  days  in  order  to 
allow  complete  sedimentation  before  drawing  the  water.  On 
March  30  the  water  was  drawn  off  for  a  depth  of  3  ft.  during 
the  night  and  allowed  to  stand  during  the  day,  when  the  mud 
was  washed  off  the  exposed  slopes  by  hose  streams  under  pressure 
of  flushing  pumps  in  the  wier  house.  The  following  night  the 
water  level  was  again  lowered  to  stand  during  the  daiy,  when  the 
slopes  were  washed  down.  This  procedure  was  repeated  every  24 
hours  until  April  9,  when  the  water  had  become  very  turbid.  The 
30-in.  drain  was  then  opened,  drawing  off  all  the  water  and  such 
mud  as  it  carried.  The  deposit  of  mud  remaining  on  the  slopes 
and  bottom  was  then  disintegrated  and  slid  to  the  drain  opening 
by  means  of  1^-in.  hose  streams  under  heavy  pressure.  The  depth 
of  accumulated  mud  was  found  to  be  from  12  in.  to  36  in.  and 
the  total  amount  removed  was  estinmated  as  30,000  cu.  yd. 
Some  35,494,600  gal.  of  water  were'  wasted  in  draining  the  reser- 
voir and  16,902,600  gal.  were  used  for  removing  the  mud,  or  about 
565  gal.  per  cubic  yard  of  mud  removed.  The  cost  of  cleaning  was 
as  follows: 

"  Water,  at  $3.28  per  mU.  gal.  . . .' %  55.44 

,  22,032  kw.  electric  power,  at  1.1  ct 242.36 

Labor  operating  pumps   57.94 

Labor  cleaning  reservoir 427.27 

Total 1783.01 

The  cost  per  cubic  yard  of  mud  removed  was,  for  cleaning 
proper,  2.6  ct.  Charging  in  the  35,494,600  gaL  of  water  lost  in 
draining  the  reservoir  at  $3.28  per  million  gallons  we  have  an 
additional  item  of  $116.42,  or  0.41  ct.  per  cu.  yd.  The  cleaning 
was  completed  May  1,  1909. 

Hydraulic  Fills  on  Railway  Trestles.  Trestle ,  No.  374^  Ca- 
nadian Pacific  Ry.,  in  Frazer  Canyon,  231  ft.  extreme- iheight,  was 
filled  in  1896,  with  148,000  cu.  yd.,  at  a  cost  of  i  $.5,089,  or  7.25 
ct.  per  cu.  yd.,  including  cost  of  plant,  explosives  used  on  ce- 
mented gravel,  labor,  etc.  Fifty  per  cent,  was  cemented  gravel, 
30%  loose  gravel  and  20%  large  boulders,  which  were  removed 
with  a  derrick.  The  plant  consisted  of  1,450  ft.  of  sheet  steel 
15-in.  pipe,  1,200  ft.  of  sluices  or  flumes,  3,  ft.  wide  x  3  ft,  deep; 
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one  No.  3  "giant "  monitor  with  5-in.  nozzle,  and  a  large  derrick 
driven  by  a  Pelton  water  wheel  to  handle  boulders.  Piping  head 
was  12.5  ft.  Sluiee  boxes  v/ere  laid  on  a  11%  grade  for  the  first 
430  ft.  and  '25%  the  rest  of  the  distance,  700  ft.  The  boxes  were 
partly  supported  on  high  trestles.  The  sluices  were  paved'  with 
wood  blocks  on  the  light  grades,  and  old  railway  rails  on  the 
heaviest  to  protect  them  from  abrasion.  The  entire  force  were 
common  laborers,  except  the  pipeman  and  the  foreman,  working 
as  follows :  One  man  at  ''  giant,"  one  at  head  of  sluice,  two  along 
sluice  keeping  large  stones  moving,  three  at  outlet  of  sluice  di- 
recting stream,  and  building  small  retaining  barriers  of  brush  or 
old  ties  and  a  foreman  who'  was  also  a  carpenter,  total  8.  Ihe 
water  used  was  20  second-feet  or  1,000  miner's  inches,  the  duty 
perforined  being  1.77  cu.  yi.  gravel  moved  per  24-hr.-inGh,  which 
is  etjuivalent  to  about  980  cu.  ft.  of  water  per  cu.  yd.  excavated, 
but  it  is  claimed  that  if  the  head  had  been  about  400  to  500 
ft.  and  the  gravel  all  loose,  "  the  duty  of  the  water  would  have 
been  increased  fourfold."  Note,  however,  that  amount  of  water 
actually  used  agrees  closely  with  Mr.  Radford's  placer  mining  ex- 
perience above  given. 

The  time  of  the  whole  force  occupied  in  making  this  fill  was: 

Sluicing 95.3 

Removing  boulders  from  pit   50.4 

-Repairing  flume  and  plant  13.5 

Total  days  of  10  lir 159.2 

The  total  number  of  yards  moved  divided  by  the  actual  work- 
ing time  when  sluicing  was  in  progress  gave  an  average  of  738  cu. 
yd.,  per  lO^hr.  day.  The  cement  gravel  and  boulders,  it  will  be 
seen,  greatly  delayed  work.  At  Chapman's  Creek,  in  1894,  the 
railway  company  made  a  similar  fill  of  66,000  cu.  yd.,  at  4.34 
ct.  per  cu.  yd.  for  labor,  and  estimating  20%  of  the  first  cost  of 
the  plant  aa  chargeable  to  this  job,  the  total  was  7.15  ct.  per 
cu.  yd.  The  actual  labor  cost  of  sluicing  was  only  1.78  ct.  per 
cu.-  yd. 

Mountain  Creek  trestle  was  filled  in  1897-8  with  400,000 
cu.  yd.  This  trestle  was  10,086  ft.  long,  with  an  extreme  height 
of  154  ft.  The  fill  was  carried  up  on  a  1.5  to  1  slope.  For 
the  first  60  days,  of  10  hr.  each,  the  output  of  the  plant  was 
nearly  1,100  cu.  yd.  a  day^,and  during  that  time  the  cost  was: 

Mattresses     , $1,370.79 

Labor  sluicing    1,195.96 

Haintenance   and  repairs    678.90 

Superintendence  and  tools  385.05 

Total,  65,000  cu.  yd.  at  5.59  ct $3,630.70 


HYDRAULIC  EXCAVATION  AND  SLUICING        1053 

About  2.4  ct.  per  cu.  yd.  should  be  added  for  the  proportionate 
part  of  the  first  cost  of  plant. 

The  water  was  delivered  to  the  "giant"  under  a  head  of  160 
ft.,  the  nozzle  being  5%  in.  The  volume  was  therefore  15.75  sec- 
ond-feet. The  ratio  of  water  to  gravel  was  19  to  1.  The  sluice 
boxes  were  laid  on  an  8%  grade.  The  water  supply  was  brought 
two  miles  in  a  flume,  4  ft.  wide  x  2  ft.  high,  on  a  grade  of  20  ft. 
to  the  mile.  The  entire  plant,  including  roads,  camp,  stables, 
flume,  1,200  ft.  of  pipe  line,  600  ft.  of  sluice  boxes,  etc.,  cost 
$10,038. 

Latham  Anderson,  in  a  paper  published  in  the  1901  volume  of 
the  "  Association  of  Engineering  Societies,"  gives  some  abstracts 
from  the  "United  States  Geological  Survey  Report,"  1896-97, 
Part  IV,  which  we  can  here  repeat  to  advantage  in  illustrating 
what  has  already  been  done  in  the  way  of  economic  earth  ex- 
cavation. I 

Northern  Pacifio  R.  R.  Trestles.  During  1897,  in  eight  high 
trestles,  377,000  cu.  yd.  were  mov^d  for  about  4.8  ct.  per  cu.  yd. 

Sluicing  and  building  side  levees   3.85 

Hay  used  in  levees    0.09 

Tools ! 0.08 

Lumber  and  nails  0.22 

Labor  building  flumes    0.44 

■  Engineering  aoid  superintendence   0.11 

Total  ct.  per  cu.  yd 4.79. 

In  the  above  work  water  was  carried  by  gravity.  '  In  one  case 
pumping  was  resorted  to,  and  42,250  cu.  yd.  were  moved  for  13.5 
ct.  per  cu.  yd.  The  plant  was  inexpensive.  One  No.  2  "giant" 
costing  $95,  with  300  to  1,000  ft.  of  light  sheet-iron  pipe  costing 
27  ct.  per  foot,  and  lumber  for  sluices,  which  may  be  re-used  in 
moving  from  place  to  place,  constituted  the  outfit.  Five  to  six 
men  were  required  to  erect  andoperate  the  plant. 

This  work  was  done  in  a  dense  forest,  where  the  ground  to  be 
sluiced  had  to  be  cleared.  In  the  one  case,  above  referred  to, 
where  pumping  was  necessary,  the  cost  was: 

Sluicing  and  building  levees  10.81 

Hay  used  in  side  levees   ^ -. 0.21 

Tools      0.14 

Lumber  and  nails   0.12 

Labor  building  flume    ...^ 0.14 

Coal  used  in  pumping 1.87 

Engineering  and  superintendence  0.20 

Total,  ct.  per  cu.  yd 13.50 

In  all  cases  the  sluice  boxes  were  paved  with  square  3-in. 
blocks  laid  so  that  the  ends  would  receive  the  wear  due  to  the 
gravel.     It  was  found  that  grades  of  7%,  preferably  8%,  were 
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best  where  there  was  large  gravel  or  roek  to  be  inoved.  The 
flumes  "were  made  in  the  most  temporary  manner  of  1%-m. 
lumber,  the  boxes  being  16  to  18  in.  square.  Hay  was  used 
for  building  up  the  iside  levees  of  the  embankment  and  easily 
moved  baffleboards  to  deflect  the  main  current  from  striking 
the  leVees.  The  waste  water  was  taken  off  through  a  waste  - 
box.  Seviral  gates  were  provided  in  the  flume  so  that  coarser 
material  might  be  deposited  where  the   finer  is  found  to  be  in 

excess."  '  :' 

The  following  shows  the  range  of  costs: 


Trestle  No. 

Cu.  yd. 

Ct.  per  cu.  yd. 

161 

18,300  . 

8.21 

165 

'  6,200.  ' 

16.58 

167 

24,500 

14.00 

170 

30,800 

8.75 

172 

4,300 

10.55 

173 

9,700 

6.23 

178 

2,100 

13.25 

179 

19,800 

9.31 

182 

53,600, 

,  3.80 

184 

96,650 

4.34 

185 

800 

30.24 

186 

51,600 

7.02 

189 

•   168,100 

6.19 

190 

128,800 

6.11 

191 

42,250 

13.50 

It  will  be  noted  how  the  cost  per  cu.  yd.  decreased  as  the 
number  of  cu.  yd.  to  be  moved  ,  increases.  A  railway  trestle 
can  thus  he  filled  without  interfering  with  trafiic,  and  when 
filled  there  is  no  settlement  of  the  embankment.  Photogi-apha 
of ,  this  work,,  as  well  as  of  similar  work  on  the  Canadian  Pa- 
cific Railway,  are  given  in  Schuyler's  excellent  book  on  "  Reser- 
voirs." 

Further  data  on  filling  trestles  by  sluicing  are  given  in  Engi- 
neering News,  Oct.  12,  1899.  There  is  nothing  special  in  the 
process  except  the  manner  of  forming  the  outer  dam  or  levee 
around  the  top  of  the  embankment.  This  is  built  of  alternate 
layers  of  tough  marsh  hay  or  straw  and  earth.  The  hay  is  shaken 
down  loosely  by  a  man  walking  along  the  edge,  and  the  earth  ia 
spaded  from  inside.  This  hay  protects  the  levee  from  erosion  dur- 
ing construction,  and,  as  the  seeds  germinate,  a  sod  is  formed. - 

Banks  of  this  character  are  remarkably  solid  and  show  no  signs 
of  settlement.  One  of  the  great  advantages  possessed  by  this 
process  is  that  the  tracks  are  not  occupied  by  work  trains.  The 
only  disadvantage  connected  with  the  method  is  the  slow  speed 
of  construction.  A  crew  of  five  men  and  one  giant  will  place  be- 
tween 500  and  1,500  cu.  yd.  per  day.  If  water  is  abundant,  how- 
ever, several  crews  can  be  worked.  , 

E,  H.  McHenry  states  that  the  cost  of  filling  about  30  trestles 
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on  i^^e  Northern  PaeiflQ'Ry.  has  averaged  foriseveral  million  jards 
about  6  ct  i  per  cu.  yd.,  ranging  from   1.5  to  25  ct.  ,   . 

Cost  of  Sluicing  a  Highway  Embankment  is  given  in  Mngi- 
neering  and  Contracting,- Oat.  9,  1907,  as  follows:    ..      ■.■•■,,, 

In  connection  with  the  building  of  a  dam  in  Newaygo  oomnty, 
Mich.,  a  wagon  road  had  to  be  changed.  A  cut  was  to  be  exca- 
vated and  an  embankment  made.  The  cut  for  the  most  part  was  a 
side  hill  cut,  the  grade  descending  15%  toward  the  river.  The 
material  had  to  be  deposited  40  to  50  ft.  below  the  cut,  and 
from  100  to  500  ft.  distant.  In  all,  20,000  cu,  yd.  were  sluiced; 
but  a  record  of  the  cost  of  only  the  first  3,000  cu.  yd.  was.^ept. 
,  For  this  work  there  was  installed  one  3-in. ,  Gtoifld's  rotary  flj:,e 
pump.  This  was  set  up  on  thp  river  hank  and  a  S-jijj.ipipe  li^ie 
fun  up  the  bluff.  The  pump  was  driven  by  a  30-hp.  motor.  ,One 
3-in.  hose  an,d  a^li^-in-  nozzle  were  use^,,  Xie^  trough  for  trans- 
porting the  water  and  earth  was  of  iron,  20  in.  wide  with  5-iii. 
vertical ,  sides,  an4  was  laid  on  the  grounfl,  as  the  work  progressed 
upward  on  the  15%  grade.  The  earth  was  held  to  the  slopes  of 
tjie  embankment  below  by  means  of  brush,  poles  and  straw. 

The  nozzle  was  clamped  to  a  2  x  lO^jn.  plank,  jibout  12  ft.  long, 
and  this  plank  was  pivoted  to  a  sta^idard  similar  to  the  jack  used 
by  a,  wagon  whjeel  painter,  only  heavier .^  V^ith  thi^,  Jtrrangement 
one  man  handled  each  nozzle,  ^nfi  was  assigned  one  helper  for 
moving  hose  and  keeping  troughs  in  shape  near  the  nozzle. 

The  material  excavated  was  sand  and  gravel.  The;  puinp  and 
pipe  line  were  set  up  in  two  days  by  two  men,  Four  men  sluiqed 
the  3,000  cu.  yd.  in  four  days,  or  750  cu,  yd.  per  day.  The  cost 
of  plant  was  as  follows:       ;  , 

'3-in.  Gould  pump  ' '■ • $   20ff 

:,     Bgo  lin.  ft.  steel. trough  50  ct.  per  lin.  ft. 250 

3'-in.  pipe  line   fittings    250 

30-hp:  motor   ■ 450 

Total    •••, ?1.150 

The  labor  costs  were: 

Setting  t7p  Plant:  '' 

2  men  20  hr.at  20  ct.  per  hr.... J  8 

Sluicing : 

4  men  40  hr.  at  20  ct.  per  hr $32 

,   ,  l,man  40  hr.  at  25  ct.  per  hr.i , ,.......'10,'   . 

Dismantling  Plant : 
2  men  10  hr.  at. 20  ct,  per  hr , , %  4 

Total  labor    ......": f54 

The  man  at,  25  ct.  an  hour  r^-n  the. motor, a^idattendedhtqiithe 
pump.  '  .         ;'  ' 
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The  power  to  run  the  motor  was  furnished  by  an  electric  pBwer 
plant,  the  charge  for  the  power  being  1  ct.  peif  kw.  hour,  a  low 
price. 

Summarizing  we  have  the  following '  cost  per  cu.  yd.  on  this 
3,000-yd.  job: 

Installating  and  dismantling  plant   0.4 

Labor  sluicing   1.4 

Straw,   oil,  water,  etc 0.1 

Electricity  at  1  ct.  per  kw.  hr 0.3 

Total,  ct.  per  cu.  yd 2.2 

Since  the  first  cost  of  the  plant  was  only  $1,150,  a  charge  of 
$6  a  day  for  plant  rental  would  exceed  100%  per  annum,  even 
though  the  plant  were  idle  one-third  of  the  time;  but  $6  a  day 
is  only  %  ct.  per  cu.  yd. 
'  The  Sheerboard  Method  of  Retaining  Wet  Earth.  Engineer- 
mg  News,  Sept.  5,  1914,  gives  the  following: 

The  sheerboard  method  of  construction  is  largely  used,  in  the 
building  of  hydraulic  fills  and,  dams.  Under  most  conditions  it  is 
a  cheaper  and  more  efiFective  way  of  retaihing  the  water-bprne 
earth  thain  any  other  method.  Under  this  plan  the  material  is 
retained  by  two  or  more  bulkheads  or  "  sheerboards,"  made  of 
plank  laid  horizontally  on  edge  and  retained  by  sticks.  On  light 
work,  two  1  X  12-in.  boards  nailed  to  24-in.  stakes  about  7  ft. 
long  are  sufficient.  The  stakes  sjiould  be  about  4  ft.  apart. 
After  the  material  is  carried  up  to  the  top  of  the  first  row  of 
sheerboards,  a  second  row  is  built  from  4  to  7  ft.  back  of  the 
first.  The  bottom  of  this, top  sheerboard  is  placed  from  5  to  10 
in.  below  the  top  of  the  lower  bulkhead  to  prevent  bulging  and 
flowing  out  between  the  bulkheads.  The  amount  of  "  seal "  neces- 
sary depends  upon  the  nature  of  the  material  being  handled. 
In  ordinary  loams,  6  in.  has  proven  effective,  while  in  fine  clay 
and  sandy  loam,  10  in.  is  often  necessary.  As  many  sheerboards 
are  built  in  this  manner  as  are  necessary  to  build  up  to  the 
desired  height.  By  this  method  the  water  is  taken  off  through 
spillways  that  lead  to  pipe  drains  or  natural  draj;iage  courses. 

For  full  descriptions  of  this  method  see  the  description  of  the 
grading  of  Westover  Terraces  at^the  close  of  this  chapter.  See 
also  Chapter  XV  on  hydraulic  dredging. 

A  Small  Sluicing  Job.  The  hydraulic  method  was  adapted  in 
a  Southern  Michigan  village  in  1914  for  replacing  and  compact- 
ing portions  of  the  head-race  dike  of  a  gristmill  which  had  been 
washed  out.  This  head-race  winds  along  a  low  bluff  on  one  side 
of  a  flat  valley.  Gravelly  sand  along  the  top  of  the  bluff  was 
available  for  the  embankment.  As  it  was  necessary  to  install 
a  pump  so  that  this  material  might  be  compacted  with  water,"  it 
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was  decided  to  make  the  fill  hy  the  hydraulic  method.  The  fol- 
lowing data  on  this  work  are  taken  from  an  article  Tby  William 
Q.  Fargo  in  Engineering  ^ems-Record,  Feb.  \i,  1918. 

A  3-in.  FOtary  lire  pump  was  taken  from  the  mill.  Five  hundred 
feet  of  old  214-in.  hose  and  nozzles  were  borrowed  from  the  vil- 
lage Are  department.  Two  sets  of  troughs  were  made  as  shown 
in  Fig.  17,  so  one  could  be  moved  forward  without  stopping  the 
work.     The  embankment  was  first  brought  approximately '  to  the 

l<....«!.;>i/0'i<. 7^: ......y.^. „^^'^,, .5. 

I  '       '         Head  Race'  i  ' 

I  -,  iji    J  'j  ^ 


TR0U6H  PETAILS 

Fig,   17.     Method  of  Building  Small   Embankment  with   Flume. 

outline  A,  B,  C,  D,  and  water  let  into  the  canal  so  the  mill  cOuld 
be  started.  The  spillway  in  the  meantime  was  inclosed  in  a 
coffer-dam.  The  use  of  troughs  for  transporting  filling  material! 
across  the  race  made  it  unnecessary  to  provide  a  bridge  for  teams 
or  to  defer  the  turning  of  water  into  the  canal.  The  amount  of 
the  fill  handled  by  this  simple  hydraulic  equipment  was  only  670i 
cu.  yd.,  which  was  placed  and  sloped  in'  51^  days  of  10  hr.  each. 
The  cost  was  as  follows: 

Troughs,  156  linear  feet  or  1,500  ft.b.m.    @   $20.00  M, 

leas  salvage   $  30.00 

1  —  3-in.  pump  on  hand,  no  charge.  >  " 
500  ft.  of  2VS-in.  hose,  on  hand,  no  charge. 

.     ,      Traction  engine,  10  hp.,  with  man,  6  days  @  $5 30.00 

£abor,  5  men,  2  days  installing  and  dismantling  @  $2  20.00 

Labor,  5  men,  sluicing  5%  days  '.  55.00 

Coal,    2,500  lb 6.25 

Proportion    supervision    15.00 

Total  at  23.3  ct.  per  cu.  yd J156.25 

If  the  work  had  involved  four  times  as  much  fill,  adding  the 
proportional  labor,  fuel  and  engine  rental  charges,  the  cost  per 
cu.  yd.  would  have  been  16  ct. 


/ 
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Sluicing  Earth  into  a  Dam  on  the  Snake  River,  Three, dams 
of  the /hydraUlicfiU  and  rock-flll  type  on  the  Snake-,:Riyer  ,in 
Idaho,  are  described  by  James  U.  Schnyler  in  TKansa(}fions<, 
American  Society,  of  Civil.  Engineers,  vol.  LVIII.  The  earth 'fill 
amounted  to  58,000,  oil.  yd.  in  one,  62,850  cu.  yd.  in  the  second 
and  48,000  cu.  yd.  in  the  third;  114,250  cu.  yd,  of  rocki  were  used 
in  the  tl^ree  dams.  A  wooden  core  ^^'all  was  built  of  2-in.  plank 
from  the  bottom  ;  to  within  6  ft.  of  the  top,  the  plank  being 
laid  horizontally,  breaking  joints,  and  being  spiked  to  3  x  6-in. 
uprights  placed  2.  ft.  apart  from  center, to  center. l  The  base  of 
this  wooden  partition  was  embedded  in  concrete,  which  filled  the 
trench  to  above  the  line  of  the  bed  rock,  and  formed  a  tight  bond 
with  the  rock. 

The  principal  part  of  the  hydraulic-filling  for  the  north  dam 
was  delivered  from  the  north  side  of  the  river  through  a  flume, 
in  the  upper  end  of  which  m,  receiving  box  was  placed  where  the 
earth  was  dumped  from  wagons  into  a  trap.  Water  pumped 
from  the  river  washed  it  down  to  the  dam. .  The  earth  was  loaded 
into  the  wagons  by  an  elevating  grader.  The  water  used  was 
about  1  cu.  ft.  per  second,  delivered  by  a  No.  4  centrifugal  pump. 
The  lower  end  of  the  flume  discharged  along  the- upper  side  of  the 
wooden  core  wall,  first  filling  the  voids  in  the  rock-fill  and  then 
extending  up  stream  in  the  water,  assuming  a  very  flat  slope  of 
6  or  7  on  1  under  the  water  line.  Great  djflieulty  was  experienqefl 
for  some  time  in  stopping  a  few  leaks  through  the  wooden  parti- 
tion, and  considerable  earth  filling  was_  CE^rried.  through  the  dam 
and  lost.  This  may  have, been  due  to  the  settlement  of  the  cribs 
under  the  weight  of  rock,,  or  to  imperfect  joining  with  the  bed 
rock.,  .The  necessity  for  doing  much  of  the  work  in  freezing 
wea,the,r, , was  oneiof  the  causes  of  the  serious  diflSciilty  encoun- 
tered in  making  the  hydraulic  fill.  Layers  of  frozen  earth  were 
formed  in  the  embankment  and  tji.ese  subsequently,  thawed  out 
when  the  water  was  allowed  to  rise  against  the  dam,  treating 
alarming  settlement  in  the  earth  next  to  the  rock-fill.  This 
alarm  was  due  to  the  extent  of  the  disappearance  of  the  earth- 
fill  below  the  water  line  along  almost  the  entire  length,  of  the 
dam,  and  the  volume  of  leakage  through  the  dam  when  the  water 
reached  its  normal  height.  This  leakage  was  not  definitely  meas- 
ured, but  it  was  estimated  at  one  time  at  more  than  6  cu.i  ft.  per 
second.  In  an  ordinary  earth  dam  such  leakage  would  necessarily 
be  fatal.  In  this  case  it  was  never  a  source  of  actual  danger,  and 
only  resulted  in  the  loss  of  2,000  to  3,000  cu.  yd.  of  earth  fill- 
ing ( possibly  leas ),  before  the  leaks  were  finally  closed  with,  fine 
gravel  brought  in  a  barge  from  a ,  few  miles  aboy e. , 

The  contract  prices  for  these  dams,  were  \     Dry  ,  ea.rth  in  em- 
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tiankment,  27.5  ct.  per  cu.  yd.;'  and  sluicing  earth,  37.5  ct.  pef 
cu.  yd.  These  prices  were  high  for  several  reasons,  namely  the 
high  cost  of  fuel,  the  scarcity  of  earth  in  the  neighborhood  of  the 
dams  and  the  high  price  of  labor. 

Dam  at  Tyler,  Texas.  This  earth  dam  was  built  in  1894  by  the 
hydraulic  method.  The  embankment  is  32  ft.  high,  575  ft.  long, 
and  contains  '24,00C  cu  yd  The  water  for  hydraulieking  was 
pumped  through  a  6-in  pipe  from  the  city  pumping  station  by 
a  Worthington  steam  pUmp  of  750,000  gallons  daily  capacity. 

In  beginning  the  daiii  a  trench  4  ft.  wide  was  excavated  through 
the' surface  soil  to  a  depth  of  several  feet,  and  was  filled  with 
selected  clay  sluiced  in.  '  Then  low  sand  ridges  or  levees  were 
thrown  up  at  the  toes  of  the  proposed  dam  and  carried  up  as  the 
dain  progressed,  the  clear  water  being  drawn  off  from  time  to 
time. 

In  loosening  the  material  for  the  dam  a  water  jet  was  directed 
by  an  ordinary  li^-in.  nozzle  attached  to  a  2^-in.  hose;  and 
the  pressure  was  100  lb.  per  sq:  in. 

The,  washing  was  carried  into  the  hill  on  a  3%  grade,  which 
soon  gave  a  lO-ft.  face,  increasing  gl-adualjy  to  a  36-ft;  face.  The 
jet,  of  course,  was  directed  at  the  foot  of  the  face,  undermining 
the  material.  The  cost,  including  plant,  labor,  etc.,  was  4.75 
ct.  per  cu.  yd.  excavated. 

The  material  was  tiranspbrted  in  a  13-in.  sheet-iron  pipe  put 
together  stove-pipe  fashion,  with  loose  joints.  The  pipe!  ex- 
tended from  near  the  face  of  the  bluff,  where  the  jet  was  operat- 
ing, across  the  center  line  of  the  dam.  When  the  end  of  the  dam 
nearest  the  bluff  reached  full  height  the  pipe  was  raised  on  a 
trestle  to  give  it  grade  for  transporting  the  material  to  the  oppo- 
site side.  The  material  transported  varied  from  18%  in  i clay  to 
30%  in  sand.  The  volume  of  water  pumped,  computed  on  a 
basis  of  these  percentages, '  was  less  than  20,000,000  gallons. 
The  entire  cost  of  this  dam  was  $1,140,  which  is  a  marvel  of 
cheapness  and  illustrates  what  can  be  done  using  the  hydraulic 
method.  It  should  be  noted  here  that  dam  building  should  never 
be  attempted  with  earth  sluice  ditches  in  place  of  pipes. 

la  Mesa  Dam,  California.  ■  This  dam  is  described  in-  Schuyler's 
"  Reservoirs  "  where  excellent  piotographs  are  given  of  the  work 
in  progress.  In  this  case,  no  "giants"  were  used;  most  of  the 
material  being  loosened  with  plows  and  carried  with  scrapers  to 
ground  sluices  or  boxes  in  which  the  Water  ran  that  carried  the 
material  to  the  dam  site,'  38,000  cu.  yd.  were  thus  handled, 
some  of  which  was  transported  2,200  ft.  in  the  sluices,  and  ll;5 
acres  were  Stripped  to  a  mean  depth  of  2  ft.  to  get  the  material. 
This  shallow  cutting  made  the  dam  cost  three  or  four  times  what 
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it  otherwise  would  have  cost.  The  dam  was  a  rock-fill  with  an 
earth  core  washed  to  place,  as  described.  From  the  main  water 
supply  ditch,  laterals  were  cut  so  as  to  divide  the  area  to  be  ex- 
cavated into  zones  50  to  100  ft.  wide  by  several  hundred  feet  long, 
leading  toward  the  dam  on  6%  grade. 

Where  the  grade  of  ditches  was  25%  or  more,-  they  eroded 
their  own  banks,  and  required  no  assistance  from  picks  or  plows. 
After  these  ditches  had  secured  their  load  of  gravel,  they  delivered 
to  a  24-in.  wooden-stave  pipe,  which  carried  the  material  to  the 
dam  site.  About  2,000  ft.  of  this  wood  pipe  was  used,  the  first 
cost  of  the  pipe  being  90  ct.  a  ft.  It  was  made  in  12-ft.  sections, 
loosely  placed  together,  and  connected  by  strips  of  canvas 
wound  around  these  butt  joints,  and  held  with  a  tarred  rope 
tourniquette.  The  pipes  wore  rapidly.  Sheet-iron  or  open-wood 
flumes  would  be  preferable. 

During  the  first  30  days  of  24  hrs.  each,  700  cu.  yd.  a  day 
were  moved.  The  solid  material  was  3.3%  of  the  water;  27  to  45 
men,  working  in  8-hr.  shifts,  were  employed.  ,  The  cost  of  loosen- 
ing was  the  main  item. 

The  San  Leandro  Dam  (Cal.).  This  dam,  built  in  1874-S, 
contains  542,700  cu.  yd.,  of  which  160,000  cu.  yd.  were  deposited 
by  the  hydraulic  method  at  a  cost  of  1,4  to  %  the  cost  of  moving 
earth  by  carts  or  scrapers.  The  water  was  brought  four  milea 
ill  a  ditch,  and  the  sluiced  gravel  was  conveyed  in  a  flume  lined 
with  sheet  iron,  laid  on  a  4;  to  6%  grade. 

Hawaiian  Sam  Built  by  Sluicing.  James  D.  Schuyler  in  Trans- 
actions, American  Society  of  Civil  Engineers,  vol.  LVIII,  gives  the 
following : 

A  dam  on  the  Island  of  Vahn,  Hawaii,  was  of  the  hydrau- 
lic and  roek-fiU  type,  being  98  ft.  high  and  580  ft.  wide  on  the 
base  and  25  ft.  at  the  crest.  Ground-sluicing  was  the  method 
used,  the  soil  being  plowed  and  pushed  into  a  stream  of  water, 
which  cs^rried  it  to  the  dam.  The  work  of  loosening  and  deliver- 
ing the  soil  to  the  sluice  was  done  by  contract  for  8  ct.  per  cu. 
yd.  The  cost  of  distributing  averaged  3  ct.  per  cu.  yd.,  making 
a  total  of  11  ct.  In  all  141,000  cu.  yd.  were  excavated;  100,000 
yd.  were  handled  by  steam  plows  and  a  "  crowder,"  a  V-shaped 
scraper  pulled  by  a  traction  engine,  while  41,000  cu.  yd.  were 
handled  by  men  with  picks  and  shovels. 

'  A  Small  Hydraulic  Fill  Sam.  Engineering  and  Contracting, 
Jan.  13,  1909,  gives  the  following: 

.  A  dam  built  for  a  small  reservoir  of  2,000,000  gal.  capacity, 
was  located  in  California.  The  material  for  the  dam  was  sluiced 
into  place  with  a  No.  1  giant  with  2  and  2:^-in.  nozzles.  This 
giant  complete  cost  $70.     A  4-in.  centrifli^al  pump  furnished  the 
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water.  The  water  was  available  under  a  40^ft.  head  and  by  means 
of  a  direct-connected, 30-hp.  motor  the  pressure  was  increased  to 
45  lb.  per  sq.  in.     The  consumption  of  water  was  425  gal.  per  min. 

The  material  washed  down  was  obtained  from  the  reservoir 
site,  so  as  to  increase  its  capacity.  This  material  was  a  decom- 
posed porphyry  that  had  to  be  blasted.  The  method  of  making 
the  blast  holes  in  the  rock  was  novel,  as  the  holes  were  bored  to 
a  suffieient  depth  for  blasting  with  the  giant  or  monitor.  The 
blasting  was  done  with  dynamite.  ^ 

The  method  adopted  for  making  the  embankment  was  as  fol- 
lows. Two  flumes  were  built  on  the  edges  of  the  dam  site  and  al- 
lowed to  flow  inward.  In  this  way  the  gravel  and  sand  were 
mixed,  and  the  fine  material  had  a  tendency  to  collect  at  the  mid- 
dle of  the  dam,  while  the  coarse  formed  a  good  protection  to  the 
outside  of  the  dam.  The  embankment  was  made  exceptionally 
wide,  so  that  the  capacity  of  the  reservoir  could  be  increased  at  a 
later  date.  The  resulting  dam  was  well  packed,  and  required 
only  a  slight  riprapping  on  the  upper  slope.  The  embankment 
contained  7,600  cu.  yd. 

Work  was  carried  on  about  15:^  hr.  each  day  and  the  job  was 
finished  in  80  days  with  5  to  7  men  working  with  one  team. 
About  31,620,000  gal.  of  water  were  pumped,  equal  to  about,  156,- 
000  cu.  yd.  of  water,  to  excavate  and  transport  7,600  cu.  yd. 
The  volume  of  material  moved  was  about  5%  of  the  volume  of  the 
water.  For  each  4,175  gal.  of  water  pumped  1  cu.  yd.  of  earth  and 
rock  was  excavated  and  put  into  place.  For  each  kilowatt  hour 
of  power  consumed  about  2,100  gal.  of  water  was  pumped.  In  ad- 
^dition  3,200  lb.  of  dynamite  was  used  in  blasting.  . 

The  foreman  was  paid  $3;00  and  the  laborers  $2.25  per  day. 
Electrical  power  was  paid  for  at  the  rate  of  $60  per  hp.  per  year, 
and  40%  dynamite  cost  13  ct.  per  lb.  Teams  are  rated  at  $5.00 
per  day. 

The  total  cost  of  the  work,  exclusive  of  general  expense  and 
any  charge  for  plant,  was  as  follows: 

Foreman    3.1 

Laborers    14.2 

Team     5.2 

Power 5—  4.2 

Dynamite     •• 5.5 

Incidentals     '■ 2.0 

Total,  ct.  per  cu.  yd 34.2 

Handling  Hydraulic  Fill  on  the  Piute  Dam.  Hydraulicking 
material  for  this  95-ft.  earth  dam  required  four  seasons.  The 
work,  finally  completed  in  1914,  is  described  by  Joseph  Jenson 
in  Engineering  Record,  July  17,  1915. 
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Before  hydraulickiiig  was  started  the  up  stream  toe  was  built 
up  53  ft.  by  hauling  with  wagons  and  dump  boards  in  the  usual 
manner  frbta  a  depbsit  lying  too  low  to  be  available  for  sluicing. 
The  first  trestle  was  built  from  end  to  end  of  the  dam  100  ft. 
inside  the  down  stream  toe.  Branch  trestles  were  built  latterly 
from  the  main  trestle  which  had  ~  a  4%  grade.  On  these  steel- 
lined  sluice  boxes  were  built  of  2-in.  plank  and  %-in.  carbon  steel 
plates.  Butt  joints  between  sections  of  sluice  boxes  were  se- 
cured by  lapping  the  steel  plates  from  one  14-ft.  section  to  an- 
other. Each  of  these  sections  was  so  arranged  that  it  could  be 
handled  as  a  unit  without  knocking  down. 

As 'the  fill  proceeded,  side  and  cross  braces  were  taken  off  so 
that  only  the  posts  and  caps  of  the  trestle  remained  standing 
in  the  fill.  After  the  dam  was  brought  to  the  height  of  the  first 
trestle,  smaller  trestles  were  used. 

The  lifts  were  made  by  stages  of  10  or  12  ft.,  as  it  was  found 
that  small  treaties  were  more  economical  of  both  timber  and  time. 

Sluicing  operations  began  along  the  lower  toe,  which  was  kept 
built  up  of  solid  material  to  a  height  of  4  ft.  above  the  surface 
of  the  settling  pond.  The  lower  toe  was  built  to  a  1  on  2  slope, 
but,  as  weight  was  added,  the  saturated  material  forming  the  dam 
squashed  out.  The  width  so  added  was  taken  advantage  of  later 
to  build  the  dain  up  to  a  95^ft;  elevation  instead  of  only  90  ft.  as 
originally  planned. 

During  the  second  season  and  until  the  completion  of  the  dam, 
a  heavy  dry  bank  was  hauled  in  along  each  edge  and  the  regular 
slope  maintained.  The  last  5  ft.  of  fill  forming  the  crest  of  the 
dam  was  also  hauled  in  dry. 

The  fl,ow  of  water  used  for  sluicing  varied  from  4  to  6  cu.  ft. 
per  second,  depending  on  the  elevation  and  consequent  pressure  gt 
the  giant  nozzle.  The  giants  used  were  No.  1  Hendy' giants  with 
4-in.  diameter  nozzle  tips.  Best  results  were  obtained  when  the 
sluice  bank  was  distant  from  the  giant  setting  from  50  to  150  ft. 
At  nearer  settings  it  was  found  more  difiicult  to  regulate  the 
amount  of  earth  carried  down  to  the  sluice  flume  in  such  a,  man- 
ner as  to  utilize  the  full  carrying  power  of  the  water,  and  to  keep 
the  sluice  boxes  from  cloggipg.  At  greater  distances  the  eroding 
power  of  the  jet  was  lessene~d,  and  the  system,  therefore,,  operated 
under  light  load.  It  was  found  advantageous  to  keep  a  boosting 
jet  near  the  head  of  the  sluice  boxes.  This  was  obtained  by  at- 
taching a  length  of  3%-in.  fire  hose  to  the  pipe  line  back  of  the 
giant,  with  a  fire  nozzle  attached  and  fastened  immediately  over 
the  sluice  box,  with  the  jet  directed  slightly  downward  and  along 
the  direction  of  the  sluice  box.  This  was  found  particularly  ef- 
ficient in  giving  the  very  coarse  material  a  rolling  rather  "than 
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a  sliding  motion  along  the.  sluice  box  bottom.  By  this  device  it 
was  possible  to  handle  rocks  weighing  50  to  60  lb.  without  dif- 
ficulty. 

Tangents  Better  than  a  Curve.  Another  item  which  proved 
rather  interesting  was  the  manner  in  which  turns  in  the  sluice 
box  should  be  made.  It  was  at  first  assumed  that  these  turns 
ought  to  consist  of   long  smooth  curves.     These,,  however,  gave 


Bouaers  fromPound-^ 
kig  Bottom  away 
irom  Sides 


'Fig.'  18.    Hanger   Bolts   to   Prevent   Boulders   from   Pounding 
Bottom  Away  from   Side. 

considerable  trouble,  even  when  the  grade  was  somewhat  steeper, 
'by  the  rougher  material  slowing  up  and,  thereby  causing  the 
boxes  to.elog.  Careful  observation  showed  that  this  was  due  to 
the  added  friction  caused  by  pressure  against  the  side  of  the  box. 
It  was  also  observed  that  when  this  rough  material  was  allowed 
to  impinge  against  a  vertical  surface  set  obliquely  to  the  direc- 
tion of  the  motion  that  the  larger  rocks  would  rebound  from 
the  siirface,  then  return  to  the  side  with  a  series  of  decreasing 
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impacts  and  velocities  before  they  finally  assumed  their,  altered 
direction  with  an  accelerating  motion.  When  the  turns  were 
made  with  a  series  of  tangents  14  ft.  long,  eaeh  one  making  an 
angle  of  about  150°,  i.e.,  a  30°  offset  with  the  preceding,  the  clog- 
ging tendencies  were  almost  entirely  overcome. 

The  sliiice  banks  on  the  east  side  contained  a  large  amount  of 
-rocks  and  boulders.  These  would  eventually  cover  the  borrow 
pit  area  to  such  an  extent  that  it  would  become  impossible  to 
penetrate  the  surface  with  the  stream  from  the  giant.  It  was, 
therefore,  necessary  to  keep  a  force  of  men  and  teams  at  work 
clearing  away  these  rocks  and  boulders  which  were  dumped  on 
the  downstream  slope  of  the  dam  and  were  later  hand  laid,  Ahus 
forming  a  very  efficient  riprap  and  serving  as  a  protection  of 
this  slope  against  weather  erosion  as  well  as  from  the  tramping 
of  sheep  and  cattle. 

The  257,600  cu.  yd.  of  hydraulic  fill  cost  20.9  ct.  per. yard, 
estimating  100%  depreciation  of  plant.  This  figure  would  be 
reduced,  to  18.7  ct.  if  a  plant  depreciation  of  50%  were  charged 
oif.      (The  plant  cost  about  $11,300.) 

The  dry  fill  of  186,500  cu.  yd.  cost  47.8  ct.  per  :yd.  Riprap 
on  the  upstream  slope,  8,540  cu.  yd.,  cost  $1,905  per  yd.,  and  the 
3,177  cu.  yd.  on  the  downstream  slope  cost  72.9  ct.~per  yd.  The 
total  cost  of  the  dam  and  contiguous  work  was  $322,311.  The 
unit  cost  of  the  total  fill,  444,100.  cu.  yd.,  based  on  50%  plant 
depreciation,  amounted  to  30.9  ct.  per  yd. 

Hydraulic  Fill  Dam  in  Michigan.  In  the  construction  of  the 
hydroelectric  development  of  the  Grand  Rapids-Muskegon  Power 
Co.,  Michigan,  104,000  cu.  yd.  of  material  for  the  dam  and  20,000 
cu.  yd.  for  a  bridge  approach  were  sluiced  into  position,  accord- 
ing to  EngineeHtig  Record,  Oct.  19,  1907. 

The  bridge  approach  fill  was  started  in  November,  1906.  A 
3-in.  Gould  rotary  fire  pump,  driven  by  a  30-hp.  motor,  supplied 
water  from-  the  river  to  a  114-iii.  nozzle  through  a  line  of  3-in. 
pipe  and  hose.  The  loosened  material  was  carried  down  into 
the  fill  in  a  sheet-iron  flume,  20  in.  wide  at  the  bottom  and  5  in. 
high,  laid  at  a  grade  of  15%.  The  pump  and  pipe  line  were  set 
up  by  2  men  in  2  days. 

In  five  days  of  10  hr.,  each;  4  men  and  1  foreman  placed  3,000 
cu.  yd.  at  a  labor  cost  of  $42  or  1.4  cti  per  cu.  yd. 
'  These  pumps  were  not -adapted  to  the  hard  continuous  service 
required  in  sluicing  operations  and  were  out  of  commission 
about  50%  of  the  time.  The  pumps  were  designed  to  deliver 
1,125  gal.  per  min.  each.  The  nozzles  used  were  1%  to  11^ 
in.  in  diameter.  The  pressure  at  the  nozzle  was  60  to  .SO  lb.  per 
,sq.  in. 
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The  material  was  mainly  sand  containing  haidpan  and  clay. 
With  the  pressures  attained  the  jets  could  not  loosen  the  latter 
materials.  The  average  height  of  the  felufl  was  30  ft.  The 
greatest  distance  the  material  was  moved  in  flumes  was  800  ft. 
The  flumes  were  laid  on  grades  ranging  from  5  to  9%.  With 
grades  of  less  than  6  or  7%  it  was  necess^iry  |to  have  a  man  at 
each  50  ft.  of  flume  to  prevent  stoppages.  The  costs  were  as 
follows: 

Cost  of  Equipment  and  Materials: 
Two  6-in.   Bumsey  underwriters  rotary   fire   pumps 

(new) $   840.00 

Two.   6-in.    Gould    underwriters    rotary    fire    pumps 

(second    hind) 750.00 

430  ft.  10-in.  No.  16  gauge  spiral  riveted  pipe,   cost 

60  ct.  a  foot  when  new,   second-hand,  45  ct 193.50 

400  ft.  8-in.  wrought-iron  pipe  and  flttiiigs  (new) . .  436.45 
414  ft.  6-in.  wrought-iron  pipe  and  fittings  (new)..  272.00 
120  ft.  4-in.  wrought-iron  pipe  and  fittings  (new) 
material  bought  second-hand  including  all  fit- 
tings for  the' 10-iti.  line,  also  6-iil.,  8-in.  and  10- 
in.  fittings  for  pumps,  150  ft.  4-in.  rubber  hose 
and  nozzles;  350  ft.  of  30-in.  No.  12  gauge  flumes 

used  two  months  on  another  projett   800.00 

500  ft.  No.  12  gauge  30-in.  flume 250.00 

PuUeys,    belting    3-in.,    cotton    mill   hose    and    other 

sundries 200.00 

Total    plant    $3,741.95 

Charge  50%  of  this  total  to  next  job,  leaving  $1,875  to  be 
divided  by  104,000,  which  was  total  number  of  cu.  yd.,  gives  the 
proportionate  cost  of  plant  as  1.8  ct.  per  cu.  yd. 

Labor  and  Supplies; 

Labor  from  pay  roll,  total  ; $3,774.61 

Teams      (removing     stumps     and     stone,     handling 

flumes  and  trestle  timber) 248.56 

Straw     18.00 

Oil,  waste,  pumps  repairs  and  sundries   118.8a 

Total  labor  at  4  ct.  per  cu.  yd.. $4,160.00 

Killowatt  hours  of  power  measured  at  meter  at  Big 

Bapids  dam  18  miles  from  Croton  138,008 

Deduct    for    line    and    transformer    losses    and    for 

power  used  for  other  purposes  at  Croton.; 46,00? 

Ifet  power  used  by  pumps  of  sluicing  plant  92,000 

92,000    kw.-hr.    at    1    ct,  =  $920,    which    divided    by    104,000 
equals  0.9  ct.  per  cu.  yd. 

Summary  of  Cost: 

Plant   depreciation J'^ 

Labor   and  supplies    • 4-j' 

Power  at  1  ct.  per  kw.-hr ■■    "■»  , 

Motor  rental  . ., , "■'■ 


Total  ct.  per  cu.  yd.^ 


6.8 
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Cost  of  Plant  and  Operation,  Lyons' Sam,  Mich.  The  material 
was  mainly  from  a  10-ft.  bed  of  sand  and  gravel  overlying  a 
tough  clay  bluff,  about  70  ft. '  high.  Several  expensive  trestles 
were  required  to  carry  the  flumes  to  the  daln  site.  These  trestles 
and  the  difBcultis:  causd  by  ice  (the  sluicing  was  started  in  No- 
vember, 1906)  niaterially  increased  the  cost  of  the' work.  Much 
of  the  bank  froze  and  had  to  be  blasted.  The  cost  of  the  plant 
and  its  operation  is  given  in  Table  2,  which  is  taken  from  En- 
gineering Record,  Oct.  26,  1907. 

Labor  and  Coal  Cost: 
Setting   puini^ing   plant,    labor    on   bouse   for    same, 

.,  placing   pipe,    etc i $   531.38 

Labor  at  power  bouse    577.20  _ 

Labor  at  pump  bouse 486.60 

Sluicing  labor,  building  flumes  and  trestle 3,117.50 

675  tons  of  coal 1,687.50 

■$6,400.18 
Earth  moved  from  pit,  23,400  cu.  yd.    $0,273  per  cu. 
yd.  for  labor  and  coaL 

Cost  of  Sluicing  Plant  at  Lyons  Dam: 
2  —  6-in.   rotary   fire   pumps,    new ;    1  —  5- in.    rotary 

fire  pump,  ■second-hand $1,300.00 

Pipe  fitting,  trough,  etct  1,200.00 

Lumber    and   sundries    500.00 

Total  first   cost    .■ $3,000.00 

Less  salvage,   on  sale^  of  plant   1,800.00 

Cost  to, be  charged  to  this  wo^k  $1,200.00" 

$1,200  -H  23,400  =  $0.0513,     cost     of     plant    per     cu.     yd.     of        - 
earth  moved. 

Labor  cost  per  cu.  yd $0,273 

Plant  cost  per  ,cu.  yd ' 0.0513 

Total  cost  per  cu.  yd.- $0.3243 

Ran  45  24-hr.  days,  Dec.  5,  1906,  to  Feb.  20,  1907. 

Hydraulicking  a  Dam  with  Mine  Tailings.  Cyril  Wigmore  is 
the  author  of  an  account  in  Engineering  Record,  Sept.  9,  1916, 
describing  the^.work  performed  by  an  Arizona  copper  mine  for 
the  storage  of  mine  tailings.  Mill  6  of  the  Arizona  Copper 
Company  is  situated  near  Morenci,  at  an  elevation  of  5,000  ft. 
The  average  production  of  tailings  from  this  mill  amounts  to 
about  1,500  tons  per  day,  and  the  disposition  of  this  waste  prod- 
uct has  been  the  subject  of  careful  study  on  the  part  of  engineers 
retained  by  the  company. 

On  account  of  the  floods  during  the  rainy  season  the  main  canon 
was  considered  a  difficult  place  to  impound  tailings.  However, 
the  first  storage  for  tailings  was  provided  by  a  dam  constructed 
across  the  main  cafion  about  1,200  ft.  in  length  and  equipped 
with  a  timber  wasteway  and  tunnel  for  the  purpose  of  carrying* 
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off  the   settled  waters  and  the  runoff  from  the   drainage  basin 
located  above. 

This  dam  was  an  earthfijl  built  up  with  s&rapers  and  provided 
with  a  hydraulic-fill  core.  The  height  was  approximately  5Q^ 
ft.  and  the  basin  back  of  it  was  completely  filled  .with  failings, 
about  250,000  tons  being  impounded.  The  cost  of  placing  the 
earthfill  with  teams  and  scrapers,  however,  was  excessive,  and 
figured  out  to  be  approximately  G  ct.  per,  ton,  of  tailings  im- 
pounded. It  was,  therefore,  deemed  necessary  to  devise  some 
other,  less  expensive,  scheme  for  disposing  of  the  tailings. 

After  a  series  of  experiments  carried  on  in  1907  and  1908  a 
plan  was  devised  for  using  the  coarse  sandy  portion  of  the  tail- 
ings to  build  up  a  hydraulic-fill  dam,  while  the  finer  material 
was  held  back  from  the-iace  of  the  dam  itself  for  a  considerable 
distance  upstream.  A  site  was  selected,  in  one 'of  the  branph 
canons  which  would  hold  approximately  6,000,000  tons  of  solids 
when  filled  to  the  height  which  the  low  hill  on  both  sides  of  the 
canon  fixed,  as  a  storage  limit.  In  making  this  calculation,  1 
ton  of  tailings  deposited  under  water  was, taken  as  tlie  equivalent' 
of  approximately  20  cu.  ft.  in  volume. 

At  the  site  selected  for  the  dam  an  8-in.  wood-stave  pipe  was 
laid  along  the  axis  of  the  canon  from  a  point  below  the  down- 
stream toe,  extending  upstream  approximately  4,000  ft.  At  in- 
tervals of  300  or  400  ft.  in  this  pipe  tees  were  placed  with  a 
nipple,  elbow  and  lengtlr  of  pipe  standing  vertically,  the  nipple 
fitting  loosly  in  the  tee  so  that  the  pipe  could  be  swung  in  a 
vertical  arc.  By  this  means  the  entrance  to  the  pipe  could  be 
kept  at  the  reservoir  level  and  would  draw  off  only  tlie  clear  sur- 
face water.  At  the  lower  end  of  this  pipe  line,  below  the  toe  of 
the  dam,,  pumps  were  installed  which  returned  the  clear  water  to 
the  mill  to  be  used  over  again.  ,  ,; 

The  surface  of  the  ground  at  the  dam  site  consisted ,  of  ^oil  and 
detritus, carried  down  from  the  mountains.  Jfothing  was  done  to 
prepare  the  surface  for  the  dam  except  to  scrape  up  a  dike  about 
6  ft.  high  along  the  downstream  .toe.  This  dike  was  to  prevent 
tailings  from  washing  away  iintil  the  scheme  of  construction 
could  be  put  into  effect.  The  flume  itself  was  set  back  about  20 
ft.  from  this  dike.  , 

First  Installation.  The  first  installation  at  the  dam  ,site  cout 
gisted  of  a  10xl2-in.  flume  (Fig.  19)  made  of  2  x  l^-in.'  plank 
supported  on  bents  12  ft.  apart.  The  bents  were  constructed  of 
2  X  6-in,  lumber  with  legs  supported  on  small  foot-boards  and 
with  lx6-in.  diagonal  bracing.  The  flume  was  approximately 
1,000. ft^  in  length  and  was  bujlt  on  a  2%  grade,  which  made  the 
center  bent  of  the  flume  about  24  ft.  in  height., 
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In  the  bottom  of  the  flume  %-in.  holes  were  bored  ever  4  ft. 
and  beneath  these  were  fastened  short  troughs  or  spouts  made  of 
two  pieces  of  1  x  6-in.  lumber  6  to  8  ft.  in  length.  These  spouts 
pointed  down  the  canon  and  were  given  a  pitch  from  the  hori- 
zontal of _  from  30  to  60°,  which  was  varied  as  required.  The 
coarse  sands,  being  heavier  than  the  finer  material  carried  in 
suspension,  traveled  along  the  bottom  of  the  flume  and  poured 
through  the  small  holes  in  steady  streams  without  permitting 
the  escape  of  much  water.  This  coarse  material  rapidly  piled  up 
beneath  the  spouts,  and  from  these  piles  it  was  shoveled  up  by 
hand  in  a  continuation  of  the  dike  which  at  first  marked  the 
downstream  toe  of  the  fill. 

The  percentage  of  coarse  sand  carried  determined  the  number 
of  small  holes  that  would  be  kept  opert.  In  order  to  increase 
the  height  of  the  dam  uniformly  throughout  its  length,  successive 
sections  of  the  flume  were  used  in  rotation. 

^At  first  small  pipes  about  3  in.  in  diameter  were  placed  through 
the  earth  dike  to  carry  off  the  excess  water  and  prevent  the 
washing  away  of  the  material,  but  the  hydraulic  fill  was  found 
to  build  up  very  rapidly,  and  by  keeping  the  dike  a  foot  or  two 
higher  than  the  depositing  material  the  fill  was  found  to  assume 
a  grade  of  about  7%  on  the  upstream  side.  This  flat  slope  re- 
sulted from  the  incoming  water  and  fine  material  impounded  be- 
hind the  coarse  fill.  It  is  notable  that'  the  water  drained  from 
the  coarser  material  with  great  rapidity,  and  it  was  possible  to 
walk  over  it  almost  immediately.  In  a  few  hours  there  was  no 
water  visible  in  the  bigher  portions  of  the  slope.  It  was  ob- 
served that  the  fill  settled  very  slightly  on  account  of  the  solidity 
with  which  the  material  packed  down  as  it  fell  from  the  flume. 
The  filling  of  -the  canon  required  the  use  of  thi-ee  dams,  all  of 
which  were  built  in  the  same  manner. 

One  laborer  per  8-hr.  shift  was  found  to  be  enough  to  keep  the 
dike  shoveled  up  along  the  crest  of  the  downstream  slope.  It 
was  intended  "to  keep  the  incline  of  this  slope  at  about  30°,  but 
it  was  found  that  the  sand  shoveled  up  by  hand  assumed  a  slope 
of  about  45°,  and  this  was  allowed  to  govern.  The  fill  was  con- 
tinued on  each  stage  until  the  material  reached  the  bottom  of  the 
flume  and  necessitated  its  removal  to  a  new  position.  When  the 
flume  was  moved  it  was  set  back  upstream  a  sufficient  distance 
to  bring  the  general  slope  of  the  downstream  face  to  about  30°, 
as  shown  in  Fig.  19.  In  moving  the  flume,  bents  which  could  be 
easily  pulled  were  taken  out  and  used  again,  the  others  being 
abandoned.     The  loss  of  lumber  was  very  slight. 

Four  men  were  normally  required  in  the  construction  of  the 
dam.    One  man  on  each  of  the  three  8-hr,  shifts  watched  the 
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flume,  attended  to  the  plugs  in  its  bottom,  and  shoveled  up  the 
dike  or  border,  while  a  fourth  man  acted  as  foreman.  The  mov- 
ing of  the  flume  necessitated  by  the  completion  of  each  stage  in 
the  building  of  the  dam  occurred  at  intervals  of  about  90  days. 
Flood  waters  were  carried  off  through  a  tunnel  driven  through 
a  hill  on  the  west  side  of  the .  basin.  A  6  x  6-ft.  timber  waste 
tower  was  built  at  tTxe  entrance  to  this  tunnel,  and  t^he  height  of 
this  tower  was  increased  from  time  to  time  as  the  work  ad- 
vanced. .  , 

The  cost  of  hajidling^  the  material  used  in  constructing  a 
dam  96  ft.  high,  amounted  to  approximately  one  cent  per  ton,  not 
including  the  cost  of  the  watei',  and  about  1,5Q0  jtgns ,  of  tailings 
were  placed  daily.  '''       ~^ 

The  Calaveras  Sam.  G.  A.  Elliot,  in  Engineering  Record, 
Aug.   ID,  1916,  gives  the  following:  , 

The  Calaveras  dam  is  the  highest  earthfill  structure  yet  under- 
taken, and  in  volume  is  second  only  to  the  Gatun  dam.  It  is  45 
miles  southeast  of  San  Francisco,  ^he  height  above  bedrock  at 
the  center  is  240  ft.,  the  crest  length  1,300  ft.  and  the  base  width 
1,300  ft.  The  upstream  face  slope  is  3 : 1  and  the  downstream 
2^^:1.  It  will  contain  3,084,700  cu.  yd.,  of  which  1,300,000  cu. 
yd.  are  now  in  place.  To  prevent  seepage  under  or  around  the 
structure,  a  trench  25  ft.  wide  and  8  ft.  deep  has  been  cut  in  the 
bedrock  under  the  crest  line.  On  the  west  side,  due  to  the  pres- 
ence of  seamy  rock  in  the  abutment,  this  trench  has  been  carried 
50  ft.  below  the  ground  surface. 

Construction  was  begun  in  1913  and  will  be  completed  in  1918. 

Practically  all  of  the  hydraulic  fill  in  the  dam  has  been 
pumped.  The  location  of:  only  one  of  the  eight  borrowpits  used 
was  at  an  elevation  suHleient  to  deliver,  the  material  by  gravity. 
The  distance  of  transportation  has  varied  from  1,000  to  4,500 
ft.  The  equipment  used  -in  the  work  consists  of  motor-driven  cen- 
trifugal pumps. 

At  the  present  time  two  sluicing  units  are  used.  A  three- 
stage  8-8ec.-ft.  centrifugal  pump,,  direct-connected  to  a  500-hp., 
2,200-volt  induction  motor  running  ^at  600  r.p.m.  is  mounted  on 
a  barge  in  the  reservoir  above  the  partly  completed  dam.  The 
water  is  pumped  through  12-in.  slip-joint  steel  pipes.N  and  is  de- 
livered at  the  pit  with  a  nozzle  pressure  of  75  lb.  Hendy  giants, 
with  discharge  tips  varying  from  2%;to  4in.  in  diameter,  are  used 
on  the-  end  of  the  line.  The  size  of  the  discharge  tips  varies 
with  the  material,  depending  upon  the  cutting  force  necessary 
to  bring  down  the  banks. 

The  second  station  is  located  in  the  canon  below  the  dam  and 
receives  its  supply  through  a  suction  pipe  laid  through  the  out- 
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let  culvert.  '  This  installation  consists  of  two  units,  one  with  a 
capacity  of  8  sec. -ft.  against  a  400-ft.  head  aftd  one  of  4  sec.-ft. 
against  a  5r)0-ft.  head.  The  water  from  the  smaller  pump  is 
delivered With  a  7.')-lb.  head  and  is  used  to  cut  the  banks;  Water 
from  the  second  unit  is  delivered  at  the  pit  without  head  and 
simply  gives  a  volume  sufficient  to  carry  the  material  to  the 
dam.  By  dividing  the  pumping  head  in,  this  Way  a  considerable 
saving  Was  effected  in  the  power  cost. 

Handling  of  Jets.  The  jets  are  directed  against  the  toe  of  the 
borrowpit  bank,  which  is  undermined,  causing  it  to  cave  in. 
This  results  in  the  spoil  being  broken  up  and  allows  the  water 
to  carry  it  away.  The  soil-laden  Water  flows  to  the  lowest  point 
in  the  pit,  passing  through'  a  grizzly  or  screening  device  made 
of  vertical  2-in.  pipe  set  4  in.  apart.  Rocks  more  than  -4  in.  in 
diameter  are  screened  out  and  passed  through  a  crusher  set  jiist 
helow  the  grizzly.  From  this  point  the  material  is  pumped  by  a 
l2-in.  mud  pump  driven  by  a  300-hp.  motor  thrbiigh  a  14-in.. 
slip-joint  steel  pipe  to  the  toe  of  the  dam. 

The  pipes  discharge  their  contents  on  the  outer  edges  of  the 
toes.  The  flow  is  directed  toward  the  center  of  the  dam  by  the 
work  of  one  man,  who  bj'  the  use  of  boards  so  controls  the  dis- 
charge from  the  pipe  line  as  to  build  up  small  dikes  along  the 
edge  of  the  toeS.  The  coarser  fill  remains  near  the  point  of 
discharge,  the  remaining  burden  of  the  water  being  deposited  au- 
toniaticaliy  as  the  velocity  of  the  stream  decreases,  until  the  pond 
is  reached.  Here  the  fine  clay  is  settled  in  comparatively  still 
water.  The  point  of  discharge  is  changed  ailong  the  toes  by  the 
removal  of  successive  pipe  lengths,  to  maintain  uniform  rela- 
tion'between  the  widths  of  the  dry  banks  and  pond'.  Pipes  are 
removed  from  the  end  of  the  discharge  line  without  interruption 
to  the  pumps,  so  that  a  delivery  run  across  the  toe  is  always 
begun  from  the  end  furthest  from  the  pit; 

Operation  of  Mud  Pumps.  The  mUd  pumps  Will  operate 
-against  a  head  of  80  ft.  When  the  head  exceeds  80  ft.  a  booster 
of  equal  capacity  is  cut  into  the  line.  The  head  on  the  mud 
puihps'  depends  largely  on  the  character  of  the  soil.  With  an 
excess  of  clay  the  friction  is  comparatively  loW,  and  the  power 
required  is  a  minimum.  An  example  of  this  iact  lUay  be  had 
with  the '  present  arrangement  at  Calaveras.  In  order  to  reduce 
interruptions  to  a  minimum,  duplicate  units  have  been  installed, 
so  that  should  vrork  be!  discontinued  for  any  reason  the  crew 
can  be  immediately  moved  to  another  location.  Two  pits  at  the 
same  elevation  and  the  same  distance  from  the  dam  are  used 
alternately.  One  of  these  pits  is  composed  of  abotlt  65%  clay 
and   35%    shale   ToCk.     In   the   other    these   peirbentages   are   re- 
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versed.  When  using  the  first  pit  one  pump  is  sufficient.  If  the 
second  pit  is  used,va  booster  has  to  be  cut  in  and  the  power  ia 
doubled.  , 

Wear  of  Pipes.  One  of  the  problems  encountered  in  the  work 
was  to  reduce  the  wear  on  pumps  and  pipes.  The  velocity  of  the 
water  and  the  character  of  material  which  it  carries  are  the  fac- 
tors that  affect  the  life  of  the  carriers.  Although  a  high  yelocity. 
is  desirable  to  secure  the  maxi^fnum  carrying  power  of  the  watef^, 
it  was  found  that  the  minimum  velocity  in  the  pipe  lines  which 
would,  keep  the  material  in  suspension  caused  the  least  wear  on 
the  pipes,  and ,  although  the  output  was  decreased  the  resulting 
unit  cost  was  loWer.  With  the  installation  described  this  critical 
velocity  was  12  ft.  per  second.  On  an  average  the  water  carries 
8%  of  its  volume  of  material.  -    ' 

All  the  wear  takes  place  on  the  bottom  third  of  the  pipe  cir- 
cumference. This  feature  is  so  pronounced  that  the  coating  on 
the  interior  of  the  line  is  not  disturbed,  on  the  top  two-thirds  of 
the  circumference  even  when  the  plate  at  the  bottom  is  worn 
through.  High-carbon  steel  pipes  are  now  being  tried,  and-  the 
result  has,  justified  the  slight  increase  in  initial  cost.  The  pipes 
are  turned  twice  during  their  life,  allowing  full  use  to  be  made 
of  the  metal. 

Wear  of  Pump.  The  runners  or  impellers  in  the  pumps  are 
subject  to  excessive  wear.  A  worn-out  runner  means  an  idle  crew 
for  half  a  shift  while  it  is  being  replaced.  Three  kinds  of  ma- 
terial have  been  used  —  cast  iron,  cast  steel  and  manganese  steel. 
Manganese-steel  runners  cost  about  six  times  as  much  as  cast 
iron;  but  the  cost  per  cubic  yard  was  cut  almost  in  two  by  the 
use  of  the  former.  In  some  cases  it  was  found  that  the  man- 
ganese-steel runners  wore  unevenly,  becoming  unbalanced  and 
creating  excessive  vibration  of  the  pump. 

The  yardage  handled  through  the  life  ,of  a  runner  varies  with 
the  character  of  the  material  pumped.  It  has  varied  from  30,000 
with  sand  and  gravel  to  200,000  with  excessive  clay  and  soft  shale 
rock.  ^ 

Removal  of  Water  from  Pond.  During  the  first  year  of  sluic- 
ing the  excess  water  in  the  pond  was  allowed  to  flow  out  through 
a  vertical  pipe  in  the  center  leading  to  the  culvert.  To  give  this 
pipe  stability  a  double  line  was  used,  consisting  of  a  16-in;  pipe 
set  inside  of  an  18-in.  pipe,  the  space  between  the  two  being  tilled 
with  cement  grout.  It  was  found  that  as  the  length  of  this  pipe 
increased  it  was  susceptible  to  the  movement  of  the  clay  core,  and 
thip  scheme  was  abandoned  and  the  pipe  filled  with  concrete. 

,  Two  trenches  4  ft.  wide  were  cut  through  opposite  ends  of  the 
upstream  toe  and  bottomless  flumes  constructed  of   lin.  boards 
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with  4  X  6-in.  posts  and  2  x  4-in.  spreaders.  Excess  water  from 
the  pond  is  allowed  to  flow  out  through  the  box  which  is  farthest 
from  the  point  where  the  pipes  are  discharging,  and  runs  down 
the  slope  of  the  dam,  which  Is  riprapped  up  to  the  outlet  to  pre- 
vent erosion  of  the  slope.,  To  raise  the  level  of  the  pond,  rock 
and  gravel  are  dropped  into  the  cut  to  the  required  height  for 
the  width  of  the  dry  toe.  The  amount  of  clay  contained  in  the' 
discharge  from,  the  pond  varies  from  0.1  to  2%.  Thitf  depends 
on  the  relative  amounts  of  material  delivered,  clay  sometimes  be- 
ing wasted  in  order  to  maintain  the  proper  relation  between  the 
dry  toes  and  the  clay  core,  to  insure  the  stability  of  the  struc- 
ture. 

Monthly  tests  are  made  of  the  clay  core  by  taking  samples  of 
the  fill  at  10-ft.  intervals;  A  li^-in.  pipe  with  a  wooden  plug 
in  the  lower  end  is  forced  down  to  the  point  at  which  the  sample 
is  to  be  taken.  The  plug  is  tapped  out  by  means  of  a  rod  put 
down  inside  of  the  pipe,  and  the  plastic  clay  presses  into  the  end. 
It  is  impossible  for  four  men  to  force  the  pipe  any  deeper  than 
60  ft.  At  a  depth  of  60  ft.  below  the  pond  surface  a  practically 
constant  relation  of  75%  of  clay  and  25%  of  water  by  weight  is 
found. 

In  addition  to  this;  quantitative  test  a  traverse  of  the  pond 
between  the  upper  and  the  lower!  toe  is  also  made,  in  order  to 
ascertain  the  relative  compactness  of  the  fill.  This  traverse  is 
made  by  forcing  a  pipe  as  far  down  as  possible  into  the  fill  at 
50-ft.  intervals.  The  compa,rison  between  the  periodical  depths 
and  distances  from  the  edge  of  the  pond  is  indicative  of  the 
consolidation  of  the  mass. 

Labor  and  Cost  Conditions.  Comparatively  few  men  are  em- 
ployed on  the  sluicing  units.  Two  units  are  working' two  shifts 
each  and  the  total  number  of  men  per  unit  per  shift  is  fifteen, 
making  sixty  altogether.  When  it  is  considered  that  an  average 
of  3,600  cu.  yd.  of  material  per  day  is  transported  a  distance  of 
3,000  ft.  with  a  crew  of  this  size,  the  advantage  of  this  method 
of  excavating  and  placing  fills,  is  evident.  With  the  single  ex- 
ception of  the  relative  quantity  and  quality-  pf  the  fill,  nothing 
is  left  to  the  judgment  of  the  engineer. 

The  cost  of  excavating;  and  placing  this  by  the  hydraulic 
method  depends  as  much  on  the  character  of  the  materiail  as  on 
the  cost  of  labor,  material  and  power.  The  relative  coarseness 
of  the  material  affects  the  head  upon  the  pumps.  The  direct  cost 
of  sluicing  the  first  million  cubic  yards  of  fill  was  about  25  ct. 
per  cu.  yd.  This  is  the  bare  cost  of  the  work  and  includes 
only  the  expense  of  pipes,  pumps,  motors,  belts,  power  and  labor 
used  directly  on  the  sluicing  work.     No  interest,  overhead,  super- 
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ihtepdence,  insuriance  or  the  prorated  auxiliary  costs  of  clettring 
the  reservoir  site^  building  and  maintaining  roads,-  trstils,  camp, 
etc.,  are  included  in  this  figure.  lii  this  connection '  it  ■  must  be 
borne  in  mind  that  the  work  accomplished  so  far  has  b6en 
on  the  base  of  the  dam,  and  tBat  as  the  height  is  increased  the 
unit  cost  of  placing  the  sluiced  fill  will  also  increase.i 

The  work  is  being  carried  on  by  G.  A.  Elliot,  engineer  of  the 
Spring  Valley  Water  Company.  '  ' 

Sliding  of  the  Dam.  Before  this  dam  was  finished,  a  large 
part  t)f  it  slid  oiit,  as  described  in  Chapter  XX. 

Percentage  of  Solids  Carried  on  Calaveras  Bam.  According 
to  Engineering  News,  Oct.  1,  1914,  the  material  for  the  construc- 
tion of  Calaveras  Dam,  California,  consisted '  of :  20  to  50%  of 
clay,  and  the  remainder  of  gravel  and  sai(d.  This  v/ks  sluiced 
from  a  borrow  pit,  and  down  an  open  chantiel,  having  grades 
varying  from  5%  to  7%,  to  •  an  8  x  8-ft.  concrete-lined  sump. 
In  the  open  channel  near  the  sump,  was  a  screen  by  which  all 
boulders  larger  than  5  in.  in  diameter  were  removed.  The  con- 
sistency of  the  mixture  arriving  at  the  sump  was  usually  about 
20%  solids  and  80%  water.  At  the'siimp  this  was  i^utoraatically 
diluted  when  necessary,  an  average  ojE  about  15%  material  in 
suspension  being  carried  to  the  dam. 

Hydraulic  Grading  of  Westover  Terraces,  Portland,  Ore.  R. 
M.  Overstreet,  in  Engineering  Record,  Sept.  1,2,  1914,  gives  the 
following : 

The  work  consisted  in  cutting  down  a  steep  .hill  and  grading 
it  into  roads  and  terraces  by  means  of  hydraulic  giants,  sluices 
and  sheer  boards.  A  large  part  of  the  earth  was  carried  half  a 
mile  in  a  flume  and  used  for  filling  low  ground.  The  total  yard- 
age was  approximately  ^,000,000. 

Plant.  The  installation  of  pumping  machinery  at  that  time 
consisted  of  four  10-in.  five-stage  Worthington  centrifugal  pumps 
direct  connected,  in  units  of  two  each,  to  two  650-hp.  two- phase, 
60-cyple,  2,000-volt  Westinghouse  motors  with  a  25%  continuous 
overload  capacity.  The  guaranteed  efficiency  of  the  motors  was 
90%  and  of  the  pumps  70%,  making  a  combined  plant  efliciency 
of  63%.  The  pumps  were  designed  to  deliver  8,400  gal.  per  min. 
under  375-ft.  fiead  at  690  r.p.m. 

As  the  excavation  progressed  the  pumping  head  continually 
ipereased  so  that  it  was  necessary  to  install  (Oct.,  1910)  '  ad- 
ditional pumps  as  follows:  One  16-in.  Worthington  turbine 
pump,  direct-connected,  to  a  900-hp.  Westinghouse  two-phase  in- 
duction motor.  The  efficiency  guaranteed  on  the  motor  under 
full-load  condition  was  91%.  The  pump  was  designed  to  deliver 
8,400  gal.  per  miji,  under  a  piunping  head  of  675  ft.  with  a  head 
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on  the  suction  of  a75  ft.  from  the  five-stage  pumps,  leaving  a 
resultant  head  of  300  ft.,  and  the  efficiency  guarantee  was  71%, 
making  64.6%  the  efficiency  of  the  combination. 

After  a  shutdown  of  14  months  from  Sept.,  1912,  to  Nov.,  1913, 
the  pumping  plant  was  entirely  >earranged.  One  group  of  two 
10-in.  pumps  with  motors  had  been  taken  to  another  'pieoe  of 
work  after  the  shutdown,  which  left  but  two  10-in.  pumps  at 
elevation  25,  while  the  16-in.  pump  was  taken  to  a  point  on  the 
hill  west  of  the  improvement  and  set  at  elevation  326  to  act  as  a 
boost;er  in  the  line.  The  discharge  from  the  lower  pumps  was 
through  two  lines  of   18-in.  wood-stave  pipe  for   1,500  ft.,  and 


Fig.  21.     Section  of  Flume. 


from  here  in  a  24-in.  pipe  to  the  booster.  From  the  booster 
there  were  two  18-in.  lines,  400  ft.,  converging  into  a  24-in. 
line,  300  ft.  long,  leading  to  a  plug.  From  this  point  the  14-in. 
supply  lines  were  taken  off  to  the  giants.  Two  gia^its  were  con- 
nected up,  but  only  one  was  u,sed  at  a  time.  A  record  of  the 
elevation  and  location  of  the  giants  was  kept  and  the  pressure 
taken  on  each  giant  once  every  8-hr.  shift,  and  the  discharge 
computed  from  these  pressures.  The  working  pressure  at  the 
nozzle  varied  from  50  to  80  lb.,  according  to  the  elevation  of 
the  giant  and  size  of  the  tip.  ~ 

In  1914  the  plant  remained  the  same,  there  being  a  connected 
load  of  1,550  hp.  which  delivered  about  5,850,000  gal.  of  water 
per  24  hr.  against  a  total  head  of  745  ft.  with  an  efficiency  of 
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about  49.3%.  This  low  efficiency  was  due  to  the  throttling,  of 
the  booster  pump  which  was  operating  under  conditions  far  dif' 
ferent  than  those  for  which  it  was  designed. 

Trestle  and  Flume.  The  earth  was  carried  to  the  dump  in  the 
lake  in  a  (i%  grade  flume  supported  on  top  of  a  timber  trestle 
crossing  streets  and  private  property  and  having  a  maximum 
height  of  75  ft.  and  a  total  length  of  2,500  ft.  See  Fig.  21. 
A  temporary  flume  on  a  9%  grade  was  bracketed  to  the  side  of 
the  trestle  and  used  for  making  a  till  of  about  300,000  cu.  yd. 
about  half  way  between  the  cut  and  the  lake  tract.  The  water 
lines  from  the  pump  house  to  the  giants  were  also  hung  on  this 
trestle.  The  l>'/,  flume  was  divided  into  two  channels  by  a 
bulkhead.  One  side  of  this  was  lined  with  4x4x8-in.  blocks 
laid  with  the  grain  up  and  the  other  side  with  %-in.  white  iron 
plates,  21x34  in.  in  dimension  and  weighing. about  140  lb.  each. 

The  cost  of  construction  of  the  ^trestle  and  flume,  not  includ- 
ing the  lina,ng,  was  $24.20  per  1,000  ft.  b.  m.,  of  which  $9.08 
was  for  labor,  $2.12  for  iron  and  nails,  and  $13  per  1,000  ft. 
b.  m.  for  lumber.  This  is  equivalent  to  $6.75  per  lin.  ft.  Iron 
plates  cost  from  1%  to  214  ct.  per  lb. 

Life  of  Iron  Plates  and  Wood  Blochs.  The  life  of  the  iron 
plates  was  very  satisfactory  as  compared  to  the  wood  blocks. 
The  avL'ra;  e  life  of  the  wood  blocks  on  a  6%  grade,  working  in 
gravel,  was  found  to  be  125,000  to  150,000  cu.  yd.,  while  with 
the  plates  it  was  possible  to  carry  1,000,000  to  1,200,000  cu.  y  1. 
^^'ith  the  block  lining  it  was  found  necessary  to  replace  blocks 
about  every  li\'e  weeks,  which  woulj  have  occasioned  consider- 
able loss  of  time  hal  it  not  been  for  the  extra  flume.  It  was 
found  that  the  gravel  running  over  the  steel  plates'  made  so  much 
noise  that  resdents  in  the  vicinity  complained  of  being  unable 
to  sleep  at  night,  so  the  steel-lined  flume  was  used  during  day- 
light hours  and  the  wood-lined  side  at  night.  Life  of  wood 
blocks  in  clay  was  found  to  be  about  1,000,000  cu.  yd. 

Tunnel.  At  one  point  a  flume  was  carried  through  the  hill  in 
a  tunnel  51,^  by  G  ft.  in  section.  This  tunnel  was  constructed 
on  a  10%  grade  through  hard  gravel.  It  was  about  530  ft. 
long  an  J  cost  $2.05  per  lin.  ft;  This  tunnel  was  extended  up 
through  the  property  from  the  original  portal  by  constructing 
a  covered  box  and  filling  over  it.  In  Sept.,  1912,  the  6% 
flume  was  torn  down  and  all  remaining  material  sluiced  through 
the  tunnel. 

Sluicing.  When  running  in  gravel  the  discharge  end  of  the 
flumes  had  to  be  cleared  away  every  few  days,  as  the  gravel 
would  pile  up  and  not  spread,  so  that  it  was  necessary  to  level 
off  the  gravel  fill  with  a  steam  shovel  and  cars.     When  running 


1078 


HANDBOOK  OF  EARTH  EXCAVATION 


in  clay  the  material  would  flow  800  to  1,000  ft.,  making  a  fill 
as  level  aS  a  table.  ' 

Blasting  Clay.  When  the  giants  were  working  in  gravel  the 
bank  was  undermined  by  pressure  from  a  jet  without  the  use  of 
powder.  In  clay  the  pressure  of  the  stream  had  little  effect 
on  the  bank  and  it  was  necessary  to  blast  the  material.  A 
powder  crew,  consisting  of  8  men,  was  employed  on  the  day 
shift  to  keep  the  clay  broken  up  in  front  of  the  giant.    By  al- 
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Kg.  22.    Arrangement  of  Sheerboards  for   Slopes  Made  by 
,    ^  Hydraulic  Sluicing. 


ternating  giants  from  one  shift  to  another  i  it  was  possible  to 
keep  the  clay  well  broken  up  for  a  full  day's  run.  A  stumping 
powder  of  20%  strength  was  used  in  charges  of  from  three  to 
seven  sticks,  and -from  400  to  700  lb.  were  used  daily.  Powder 
cost  $176  per  ton  delivered  on  the  work;  fuse,  $4.50  per  1,000 
ft.;  and  cdps,  $9.80  per  thousand. 

Terraces  Built  with  Sheerboards.  The  hill  attacked  in  this 
work  was,  graded  into  a  series  of  terraces  and  streetsj  sheer- 
boards  being  used  to  hold  the ,  material  to  the  desired  slope. 
See  Fig,  22.     These  were  made  up  of  two  1  x  12-in.  pieces  nailed 
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one  above  the  other  to  2  x  4-in.  stakes,  6  or  7  ft. ,  long,,  spaced 
about  4  ft.  center  to  center,  and  driven  into  the  ground'  in  the 
embankmont.  The  first  row  of  sheerboards  is  placed  at  the 
line  of  intersection  of  the  slope  with  the  ground;  the  second, 
third  .and  subsequent  rows  of  sheerboards  are  placed  as  the  em- 
bankment rises,  each  line  being  spaced  according  to  the  de- 
signed slope.  Slopes  on  this  work  were  1^,  to  1.  The  bottom 
of  each  sheerboard  is  placed  from  2  to  10  in.  -below  the  top  of 
the  upper  board  in  the  preceding  bulkhead,  depending  on  the 
nature  of  the  material  of  which  the  embankment  is  being  made. 
In  gravel,  for  instance,  the  seal  is  less  than  is  required  for 
making  a  fill  of  fine  clay.  Ip  the  lighter  and  finer  soils  it  is 
necessary  to  brace*  between  the  stakes  as  shown.  After  de- 
positing its  load  the  water  isi  taken  oflf  the  fill  through  spillways,, 
which  are  located  at  convenient  points.  These  consist  "merely  of 
flumes  running  down  the  slope  through  the  sheerboards.  By 
this  method  the  mass  of  the  embankment  is  continually  drained 
as  the  fill  is  deposited,  and  when  the  fill  is  completed  it  is  as 
compact  and  substantial  as  though  it  were  in  the  original  bank. 
The  amount  of  lumber  required  for  the  sheerboards  can  be  ob- 
tained from  the  following  data: 

Depth  of  seal,  in.  Feet,  board  measure 

2  1.09  X  area  of  vertical  projection  of  slope 

4  1.20  X  area  of  vertical  projection  of  slope 
6  1.33  X  area  of  vertical  projection  of  slope 

5  1.50  X  area  of  vertical  projection  of  slope 
10  1.71  X  area  of  vertical  projection  of  slope 
12                  ,        . ,   2,00  X  area  of  vertical  projection  of  elope 

Stakes  and  bracing      1.50  x  area  of  vertical  projection  of  slope 
Add  10%  for  loss  due  to  lap,  waste,  etc.,  on  lxl2-in.  lumber. 

When  pumping  against  a  head  of  420  ft.  during  July,  1910, 
with  1,300  hp.,  connected,  the  yardage  moved  was  37,800  cu.  yd,, 
requiring  130,000,000  gal.,  the  earth  carried  being  5.78%  of  the 
volume  of  water  in  flumes  of  6%  grade.  The  cost,  of  pumping 
per  million  gallons  of  water  was: 

Electric  current  at  0.6  ct.  per  kw.-hr '$24.38 

Pump,   operators,   $270  for  the   month 2.08 

Supplies,    repairs,    etc 0-48 

Total  per  million  gallons    $26,94 

There  were  245  gal.  pumped  per  kw.  hr.  The  pumps  worked 
539  hr.  during  July.  In  February,  1914,  the  average  pumping 
head  was  707  ft.,  and  101,790,000  gal.  were  pumped,  moving 
94,691  cu.  yd.  the  ratio  of  earth  to  water  being  18.6%,  which 
was  the  highest  percentage  attained ;  the  grade  of  the  flumes  being 
10%.     The  cost  of  pumping  per  million  gallons  was: 
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Power  at  0.6  ct.  per  kw.-hr $29.68 

Pump  operators,   including  booster  pumps,  J515 6.05  >^ 

Supplies,    repairs,    etc. 0.57 

Total  per  million  gallons $35.30 

The  connected  horsepower  was  1,S50,  and  434  hr.  were  run 
during  the  month.  The  material  was  clay.  The  work  was  car- 
ried on  for  34  months  at  an  average  rate  of  75,000  cu.  yd.  per 
mo.,  and  the  article  above  quoted  contains  a  table  giving  out- 
put and  pumping  cost  data  for  each  month  of  the  entire  period. 
The  price  of  electric  power  was  very  low  (0.6  ct.  per  kw.  hr.), 
and  about  9.3  kw.  hr.  were  used  per  cu.  yd.  of  earth,  the  earth 
being  mostly  clay,  and  the  average  pumping  head  about  600  ft. 
Eaeli  cubic  yard  of  earth  required  an  average  of  2,100  gal. 
Hence  the  power  for  pumping  (at  0.6  ct.  per  kw.  hr.)  cost  about 
5.6  ct.  per  cu.  yd.,  or  $27  per  million  gallons.  About  226  gal. 
were  pumped  per  kw.  hr. 

A  typical  distribution  of  the  pumping  heads  was  as  follows,  on 
Apr.  16,  1914: 

Loss  0^  head  in  pumps    18.4 

Loss  in  pipe  lines  to  booster  pump  12.0 

Loss  in  booster  pump    ', 34,5 

Loss  in  pipe  line  to  giant  30.2 

Effective  head  at  nozzle  109.2 

Lift   to    nozzle 656.6 

Total  pumping  head,  ft 770.9    — 

Disposal  of  Earth  by  Means  of  a  Chute.  Engineering  and 
Contracting,  Oct.   13,   1909,  gives  the  following: 

In  the  construction  of  the  new  engine  house  at  the  Lake  View 
pumping  station  at  Chicago,  111.,  the  contractors  used  an  eco- 
nomical and  efficient  method  of  disposing  of  the  sand  and  gravel 
encountered  in  the  e.fcavation  for  the  foundations  of  the  build- 
ing. 

The  building  is  located  about  300  ft.  from  the  shore  of  Lake 
Michigan  and  the  sand  and  gravel  were  conveyed  by  a  chute 
to  the  water's  edge  of  the  lake,  where  the  waves  disposed  of 
it  after  each  storm.  A  pump  installed  for  taking  care  of  seep- 
age water  was  used  to  wash  the  sand  and  gravel  through  the 
chute.  Some  trouble  was  first  experienced,  owing  to  the  fact 
that  the  fall  was  not  great  enough.  It  was  found  that  to  handle 
the  sand  by  this  method  it  was  necessary  to  have  a  grade  of 
about  5%.  One  or  two  men  were  placed  along  the  chute  to 
prevent  accumulations  of  sand,  for  if  it  started  to  collect,  it 
would  accumulate  very  rapidly  and  cause  a  blockade. 

When  it  was  found  that^  the  chute  would'  be  a  success,  a  screen 
of   l/j-in.   mesh   was   placed   in   a,   section   at   the   bottom   of   the 
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chute  for  a  distance  of  about  8  ft.  in  length.  The  sand  going 
through  the  screen  was  allowed  to  fall  into  another  portion  of 
the  chute  at  a  lower  level,  the  gravel  accumulating  on  the 
screen  being-  removed  by  one  laborer  with  a  hose.  In  order  to 
remove  the  large  gravel  and  cobble  stones  the  gravel  was  al- 
lowed to  fall  over  another  screen  of  1%-in.  mesh.  Between  50 
and  60  cu.  yd.  of  the  best  quality  of  gravel  for  concrete  was 
obtained  in  this  way  each  day  at  the  cost  of  four  laborers' 
wages.  After  the  gravel  screen  had  been  in  successful  operation, 
another  screen  was  placed  in  the  chute  lower  down ;  this  screen 
had  10  meshes  to  the  inch.     From  this  screen  about  20  cu.  yd. 


Fig.  23.    Wood  Blocks  and  Retaining  Ribs  Before  Use. 


of  the  best  quality  of  torpedo  sand  and  gravel  was  obtained  each 
day,  at  the  cost  of  one  laborer's  wage.  In  all  there  was  ob- 
tained about  2,000  cu.  yd.  of  torpedo  sand  and  gravel  suitable 
for  concrete.  About  12,000  cu.  yd.  of  sand  and  gravel  were  han- 
dled by  means  of  the  chute. 

The  Denny  Hill  Regrade,  Seattle.  This  project,  comprising 
an  area  of  4S  city  blocks,  was  undertaken  at  Seattle,  Wash.,  as 
described  at  length  in  Engineering  Neics,  Mar.  31,  1910;  5(400,- 
000  cu.  yd.  of  material  were  moved  from  a  section  in  the  heart 
of  the  city  by  the  hydraulic  method.  The  maximum  length  of 
cut  was  about  3,000  ft.  and  the  maximum  depth  110  ft.  The 
contract  price  was  27  ct.  -per  cu.  yd.  The  material  was  dis- 
charge ii;tp  deep  w»ter  in  the  harbor.     In  order  to  avoid  dis- 
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turbing  street  traffic  it  was  carried  part  of  the  way  tlirough  a 
tunnel  under  the  street. 

Besides  the  hydraulic  jets,  which  were  steadily  eating  into  the 
breasta  of  the  various  cuts,  a  construction  railway  had  been  con- 
stantly in  operation,  hauling  dirt  from  the  steain-shovels  and 
dumping  it  into  an  open  cut.  Two  trains,  consisting  of  four  side- 
dump  cars  each,  were  operated  on  this  single-track  road,  with  a 
third  locomotive  to  help  out  on  the  steeper  grades. 

In  order  to  break  up  the  dirt  from  these  trains  and  wash  it  into 
the  tunnel,  two   small-size  giants   were  installed  at  this  point. 


Fig.  24.     Effect  of  Wear  on  Blocks.  -- 

These  were  supplied  by  a  2-in.  and  a  -i-in.  iron  pipe,  respectively. 
One  feature  of  the  work  which  was  favorable  to  its  early  com- 
pletion was  the  small  percentage  of  rock  occurring  in  the  masa 
to  be  reinoved.  And  although  the  greater  part  of  the  niass  was 
a  very  hard,  blue-black  clay  —  so  hard  and  closely-compacted,  in 
fact,  that  in  the  earlier  attempts  it  was  seriously  doubted  that  it 
.  Could  he  handled  hydraulically  at  all  — -  still  the  hardest  part  of 
the  work  is  now  past.  And  at  this  time,  the  Close  of  1909,  the 
entire  project  is  more  than  three-fourths  completed. 

Sluiceway  Linings.  An  interesting  point  in  connection  with 
all  hydraulic  grading  is  the  extreme  difficulty  encountered  of  find- 
ing any  substance  which  will  resist  the  high  attrition  in  the 
sluiceways.  The  remedy  finally  hit  upon  was  removable  wood 
blocks,  placed  end  up.     Where  these  are  used  in  wood-stave_  pipe, 
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two  of  the  side-sections  of  same  are  cut  larger  to  act  as  retaining 
ribs  (see  Kigs.  23  and  24)  and  the  blocks  are  turned  in  a  lathe 
so  as  to  give  a  maximum  length  of  blocli  at  the  bottom  of  the 
pipe,  or  point  of  greatest  wear.  So  important  is  this  point,  that 
the  use  of  wood-block  lining  has  been  patented  by  a  local  firm, 
and  one  successful  damage-suit  has  already  been  brought  aga/inst 
infringers. 

Where  the  wood-block  lining  is  used  in  flumes,  tunnels,  etc., 
oblong  blocks,  6  in,  long,  are  cut  from  6  x  12-in.  rough  lumber,  and 
the  bottom  of  the  sluicewfay  is  lined  with  these,  laid  end  up 
to  wear.  Evidently,  when  these  wear  out,  it  is  a  simple  matter 
to  remove  them  and  replace  with  new  blocks. 

In,  order  to  hasten  the  sluicing,  both  by  the  loosening  of  large 
masses  and  by  the  breaking  up  of  the  more  closely-compacted 
lumps  of  the  shale-like  clay,  blasting  powder  is  used  through- 
put, the  area  under  regrade.  Comparatively  small  charges  are 
used,  however,  and  very  little  disturbance  has  so  far  resulted 
from  this  cause. 

Sluicing  Silt  to  Keduce  Canal  leakage.  The  following  is  from 
an  article  by  Fred  J.  Barnes  in  Engineering  News-Record,  May 
17,  1917.  Leakage  from  the  main  canal  of  the  Grand  Valley 
irrigation  project  in  Colorado  became  excessive  and  an  attempt 
was  made  to  stop  it  by  sluicing  clay,  in  the  hope  that  the  clay 
Would  settle  into  the  porous  material  in  which  the  canal  was 
built  and  stop  the  leakage. 

At  one  point  there  was  a  small  bed  of  about  8,000  cu.  yd.  of 
clay.  This  material  was  very  dense  and  compact,  in  its  natural 
state  requiring  a  pick  to  loosen  it.  It  contained  16%  moisture 
and  very  little  sand.  The  sieve  test  indicated  100%  passing  a 
No.  50  screen,  99.85%  passing  a  No.  100  screen,  and  98.22%  pass- 
ing a  No.  200  screen.  .The  bed  was  on  the  upper  side  of  the  canal 
immediately  adjacent  to  and  above  the  water  surfa,ce  of  the  canal. 

A  two-stage  centrifugal  pump  with  8-in.  suction  and  6-in.  dis- 
charge was  direct  connected  to  a  75-hp.,  890  r.p.m.  induction  mo- 
tor mounted  on  the  pump  base.  A  suction  sump  was  built  in  the 
canal,  and  the  motor  and  pump  were  installed  in  a  small  shed 
adjacent.  The  discharge  line  consisted  of  40  ft.  of  8-in.  spiral- 
riveted  iron  pipe  and  75  ft.  of  heavy  6-in.  canvas  hose  connected 
by  a  flange  union  to  the  giant.  The  latter  was  mounted  on  a 
heavy  frame  to  hold  it  in  position  and  had  counter -weights  to 
facilitate  handling  the  nozzle.  The  giant  proper  was  about  0  ft. 
long,  tapering  in  inside  diameter  from  7  in.  to  3%  in.  An  ad- 
ditional nozzle  of  3-in.  inside  diameter  was  also  provided. 

A  cut  was  made  through  the  upper  bank  of  the  canal  to  drain 
the  effluent  from  the  clay  pit  into  the  canal.     A  2-ft.  metal  Ap- 
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poletti  weir  was  installed  in  the  cut.  A  wooden  flume  extended 
from  the  weir  across  the  canal,  clearing  the  water  surface  by 
6  in.  Notches  of  varying  depths  were  sawed  in  the  vertical  sides 
of  the  flume  at  2-ft.  intervals  to  distribute  the  muddy  water 
evenly  over  the  channel  flow. 

The  pump  discharge  was  found  to  be  3.1  cu.  ft.  per  sec.  With 
the  3-in.  nozzle  this  gave  63.8  ft.  per  sec.  issuing  velocity.  By 
elevating  the  giant  the  stream  could  be  thrown  about  150  ft.  hor- 
izontally; With  the  31,^-in.  nozzle  the  issuing  velocity  was  46.7  ft. 
per  sec,  and  the  extreme  horizontal  range  was  about  110  ft.  One 
man  attended  to  the  motor,  pump,  pipe  line  and  distributing 
flume,  while  a  second  man  handled  the  giant. 

The  idea  was  to  utilize  the  maximum  force  of  the  stream  in 
breaking  down  the  clay  to  small  particles  and  getting  it  thor- 
oughly mixed  with  the  water.  It  was  found  most  advantageous 
flrst  to  dig  a  deep  hole  in  one  side  of  the  clay  bank  by  holdihg  the 
giant  pointed  downward  on  a  small  area  for  15  min.  or  so.  The 
sides  of  the  clay  bank  were  then  trimmed  to  a  vertical  face,  and 
the  giant  stream  was  played  over'  this  face.  It  appeared  best 
to  keep  the  stream  moving  continually  over  the  face  of  the  de- 
~^posit,  so  as  to  remove  the  material  in  thin  layers  rather  than 
to  undercut  large  masses  and  have  them  fall  into  the -sump. 
The  clay  required  considerable  agitation  before  becoming  thor- 
oughly mixed. 

The  crest  of  the  weir  in  the  cut  from  the  sump  to  the  dis- 
tributing flume  was  about  2  ft.  above  the  bottom  of  the  sump, 
so  that  this  served  as  a  settling  basin  for  larger  lumps.  The 
sump  floor  was  kept  at  this  elevation  by  occasionally  turning  the 
giant  stream  downward  and  keeping  it  pointed  pn  one  place 
for  a  short  period.  After  the  clay  became  thoroughly  satu- 
rated, it  mixed  with  the  wajter  readily  and. remained  in  suspension 
for  about  60  min.  in  gtill  water,  although  some  precipitation 
began  immediately. 

The  effluent  passed  the  weir  with  a  vertical  fall  of  2  ft.  and 
was  carried  out  in  the  wooden  flume  with  a  velocity  of  about  5 
ft.  per  sec.  over  wooden  riffles  on  the  bottom,  which  "tended  to 
grind  up  still  more  any  pieces  of  clay  that  had  been  swept  along. 
Samples  of  effluent  were  taken  at  2-hour  intervals  to  deterlnine 
the  percentage  of  clay  carried  in  suspension.  These  samples 
varied  widely,  showing  from  4  to  5%  of  clay  by  weight;  the 
average  clay  content,  as  indicated  by  samples,  was  5.4%.  The 
total  running  time  was  831^^  hr.,  during  which  period  941,000 
eu.  ft.  of  water  left  the  giant.  The  total  amount  of  clay  moved 
out,  determined  from  cross-sections  of  the  bank  before  and  after 
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sluicing   was  2,749  cu.  yd.     This  indicates  7.88%,  by  volume,  of 
clay  in  the  water. 

The  effluent  after  entering  the  canal  passed  through  different 
types  of  section  where,  on  account  of  the  rapid  succession  of 
abrupt^.changes  in  velocities,  the  rapidity  with  which  the  silt 
dropped  could  not  be  accurately  found.  It  was  observed  that 
there  was  little  tendency  toward  separation  when  the  velocity  ex- 
ceeded ,1  ft.  per  sec;  but  when  the  mean  velocity  dropped  ab- 
ruptly from  1  ft.  per  sec,  or  more,  to  0.4  or  0.5,  -there  was  im- 
mediate precipitation.  Only  slight  quantities  of  silt  were  car- 
ried as  far  as  Lewis  siphon;  the  bulk  dropped  out  in. the  first  2 
miles  below  the  tunnel. 

The  largest  observed  percentage  by  weight  of  silt  in  the  canal 
water  immediately  below  the  silting  plant  (and  due  entirely  to 
the  plant  operation )  was  0.48%.  At  Lewis  siphon  the  largest 
observed  .content  was  0.002%,  indicating  practically  complete 
precipitation  in  8.8  miles  —  neglecting  the  1.4  miles  of  tunnel 
where  precipitation  was  iiapossible. 

The  obvious  conclusion  is  that  for  best  distribution  the  velocity 
of  the  current  in  the  canal  shoul^  exceed  1  ft.  per  sec,  except 
where  it  is  desired  to  deposit  the  silt. 

The  pressure  head  was  found  by  gage,  but  no  vacuum  gage 
was  available,  so  that  the  suction  head  had  to  be  computed. 
The  total  head  thus  found  was  135.2  ft.,  using  a  3:^^-in.  nozzle. 
The  theoretical  horsepower  required  was  48.3;  the  actual  power 
consumed  was  60  kw.  at  the  Cameo  power  station,  giving  a  com- 
bined efficiency  for  the  transmission  line,  motor  and  pump  of  60%. 
Using  a  3-in.  nozzle,  the  total  head  worked  against  was  160.7  ft. 
This  required  57.3  hp.  theoretically,  and  the  actual  consumption 
waS  72.3  kw.,  making  the  combined  efficiency  then  59.2%. 

When  working  the  stream  against  a  vertical  face  of  the-  hank 
from  a  distance  of  40  ft.  or  less,  the  3%-in.  stream  seemed  as  ef- 
fective as  the  3-in.,  with  much  less  power  consumption.  At 
greater  distances  or  when  digging  was  required,  the  3-in.  stream 
worked  faster. 

The  installation  cost  of  the  silting  plant  was  largely  in  re- 
pairs to  the  pump  ( an  old  one  in  poor  condition )  and  labor  of 
erecting  the  pump,  motor  house,  pipe  line,  distribution  flume, 
etc  All  material  was  old  stuff  lying  around  the  camp.  The 
transmission  line  was  already  built.  No  depreciation  charge 
was  allowed  on  machinery,  since  much  overhauling  was  neces- 
sary and  the  pump  was  in  better  condition  after  sluicing  ended. 
The  cost  of  power  was  comparatively  high,  3.47  ct.  per  kw.  hr.  in 
September  and  3.84  ct.  in  October    (because  of  the  small  power 
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output  for  these  two  months  at  the  station ,  and  tlje  relatjy^ly 
high  influence  of  fixed  charges).     The  following  was  the  cost: 

Plant  erectionT"  labor  ^ $0,066"' 

Plant ,  erection,   material^    i 001 

Plant  operation,  labor 039 

Plant   operation,    materials 001 

Plant  demolition, '  labor ...-       .087         , 

Power     068 

Engineering     '. .        .056  '  -  ■■ 

Olosing  entries  (automobile  expense,  etc.) .023 

Tptftl  per  en.  yd. ?0.291 

Tolal-olay  moved,  cu<  yd. 2,749-0  "'"'"' 

Total  power  used,  kw.-hr .' i 5,2'90i0  '■■  -- '■  : 

Power  used,  kw.-br.  per  cu.  yd.  of  clay  \..,,  .iLS?-   ..  ,j,  ,, 

HouiBs  of  ^  plant  operation   ^ 83.5 

"\Vater   pumped,    sec. -ft 3.129 

Clay   in   suspension,    %    ;....' \  7.88 

'      '.'Total  head  on  pump  using  3^-in.  nozzle,  ft.  ........  135.2    ; 

,  Total,  head  on  pump  using  3-in.  nozzle^  ft.... ...  .160:7  -  , 

Approximate    combined    efficiency    of    transmission 

\me,  motor,  and  pump,  %  60.0 

One  item  pf  $145.66  for  giant,  pip6  and  fittings,  all  of  which 
were  in  as  good  condition  after  work  was  completed  as  when 
received,  is  not  included  in  the  above  cost. 

Bibliography.  "A  Practical  Treatise  on  Hydraulic  Mining 
in  California,"  Aug.,  J,  Bowie;  "Manual  of  Hydraulic  Mining," 
T.  F,  VanWagener;  "Hydraulic  and  Placer  Mining,"  Third  Edi- 
tion, Eugene  B.  Wilson ;  "  Reservoirs  for  Irrigation,  Water 
Power  and  Domestic  Water  Supply,"  James  D.  Schuyler. 

"  Hydraulic'  Excavation,"  Latham  Anderson,  Jour.  Asso.  Eng. 
Soc,  Vol.  ,26,  Jan.,  1901. 

"  Notes  on  Hydraulic  Sluicing,"  Eng.  and  Min.  Jour.,  April 
8,  1911;.  "Making  a  Fill  by  Sluicing  through  a  Flume,"  Eng. 
Hews,  Jan.,  22,  1914. 


CHAPTER  XIX 
ROAD  AND  RAILROAD  EMBANKMENTS 

Although  much  of  the  informatioil  in  preoedlmg  chapters  is 
applicable  to  the  building  of  embankments  for  roads  and  rail- 
roads, it  is  desirable  to  have  a  special  chapter  for  this  branch 
of  earthwork. 

'Embankments  for  roads  and  railroads  differ  from  other  em- 
bankments, except  levees,  in  that  they  are  usually  q'uite  long. 
They  differ  from  earth  dams  and  levees  in  that  they  need  not 
be  watertight. 

Road  embankments  are  usually  not  'so  high  as  railroad  "  fills,'' 
and  most  of  the  earth  is  commonly  secured  from  the  ditches. 
The  shallowness  of  the  fills  makes  road  work  more  expensive 
than  railway  work.  Also  the  area  of  trimming  of  earth  sur- 
faces is  proportionately  greater  for  roads  than  for.  railroads, 
and  makes  the  cost  per  cubic  yard  higher.  Finally,  it  is  usu- 
ally specified  th^t  highway  fills  and  subgrades  must  be  sprinkled 
and  rolled,  whereas  railway  fills  are  seldom  rolled. "or  even 
watered  to  effect  consolidation. 

Contractors  experienced  in  railway  earthwork  usually  under- 
estimate the  cost  of  highway  work,  for  the  reasons  just  given. 
But  study  of  the  data  in  Chapter  VI  will  prevent  such  under- 
estimates. 

It  should  also  be  remembered  that  the  hard  earth  crust  of  an 
old  road  is  often  as  difficult  '  to  loosen  as  -hai'dpan,  and  that 
when  loosened  it  is'  not  as  easily  shoveled  or  scraped  as  ordi- 
nary field  earth.  ' 

In  designing  railway  earthwork,  the  engineer  usually  aims 
to  "  balance  the  cuts  and  fills,'^  that .  is  the  earth  yardage  of.  the 
excavated  parts  of  the  railway  line  is  made  approximately  equal 
to  the  yardage  of  the  embankments.  This  frequently  Tesults 
in  long  hauls  for  the  earth.  Where  the  yardage  is  small  and 
the  hauls  become  very  long,  it  is  usually  cheaper  to  secure  the 
earth  from  "  borrow  pits "  near  the  fills.  The  increasing  use 
of  dragline  excavators  will  probably^  result  in  more  frequent 
"  borrowing "  of  earth  for  fills  and  "  wasting "  of  earth  from 
cuts,  as  described  later  in^his  chapter. 

The  shrinkage  of  '  earth  embankments  is  discussed  in  Chap- 
ter I. 

Besides  shrinking,  embankments  are  apt  to  settle  into  the 
material  on  which  they  are  built,  making  it  difficult  to  dis- 
tinguish between  settlement  and  shrinkage.  A  striking'  illus- 
tration of  the  settlement  of  an  embankment  is  shown  in .  Fig.  1, 
a  diagram  of  what  happened  to  a  fill  across  the  Papio!  Valley 
for  the  Union  Pacific  Ey^  :    > 
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A  Kethod  of  Beteimining  Subsidence  and  Shrinkage  has  been 
worked  out  for  use  on  levees  in  the  Orleans  Levee  District  in 
Louisiana,  and  is  described  in  Engineering  and  Gontraoting,- 
Oct.  18,  1916.  Briefly,  a  2-in;  pipe  is  driven  until  sufficient  pen- 
etration is  secured  through  good  solid  'earth,  so  that  ^  the  pipe 
cannot  be  disturbed  by  the  superimposed  weight.  A  3-in.  pipe 
screwed  into  an  8-in.  flange,  which  in  turn  is  bolted  onto  boards, 
is  slipped  over  the  2-in.  pipe.    The  boards  give  sufficient  bear- 


Fig.    1.     Section   Through   95-Ft.    Fill    Showing    Subsoil   Strata 
Before   and  After   Settlement. 


ing  surface  so  that  the  3-in.  pipe  sinks  with  the  original  ground. 
Its  upper  end  is  closed  with  a  cap.  Levels  taken  on  this  cap 
show  the  subsidence,  and  taken  in  connection  with  levels  on  top 
of  the  embankment  they  show  the  shrinkage. 

Calculating  the  TJltimate  Subsidence  of  an  Embankment.  In 
the  Transaotiores  of  the  Association  of  Engineering  Societies, 
July,  1892,  there  is  a  paper  by  Henry  M.  Carter  of  the  Boston 
Society  of   Civil   Engineers,   on   the   settlement  of   the   embank- 
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ment  between  Squantum  and  Moon  Island,  Boston  Main  Drain- 
age Works.  The  embankment  is  4,200  ft.  long  built  on  soft  ma- 
terial. The  embankment  was  to  be  20  ft.  wide  on  top  and  to 
have  side  slopes  of  2  to  1. 

The  original  surface  on  which  the  embankment  was  to  be  built 
consisted  of  a  gravel  bar  at  about  half  tide  elevation,  varying 
in  thickness  from  2  to  8  ft.,  and  extending  from  Moon  Is- 
land 2,800  ft.  toward  Squantum.  At  this  point ;  the  bar  disap- 
peared and  the  surface  showed  mud  alone  at  the  elevation  of 
low  water. 

Two  sets  of  borings  showed  an  apparently  solid  gravel  bar, , 
so  a  contract  was  let  for  building  an  embankment  on  this  bar 
and  for  dredging  out  the  mud  for  the  remaining  distance  and 
filling  in  with  solid  earth.  After  work  was  commenced  a  doubt 
was  raised  as  to  the  extent  of  the  gravel  bar,  and  further  bor- 
ings showed  it  to  be  entirely  underlain  by  mud.  This  discovery 
caused  the  abandonment  of  the  original  plans.  It  was  decided 
to  build  the  embankment  to  2  ft.  above  the  proposed  grade  and 
to  allow  it  to  settle  thoroughly  before  attempting  further  work. 
A  very  careful  set  of  borings  was  then  made  to  determine  the 
depth  of  mud  along  the  whole  line  of  embankment.  Iron  plates 
2  ft.  square,  attached  to  rods,  were  flet  in  the  fill  already  built, 
so  that  records  could  be  kept  as  these  settled  with  the  em- 
bankment. 

Observations  have  been  made  on  the  settlement  of  this  em- 
bankment for  a  period  of  9  ypars.  One  rod  settled  14  ft.  during 
the  -first-six  months,  2  ft.  during  the  next  year,  the  embankment 
being  built  as  the  sinking  took  place.  The  entire  settlement  to 
date  was  17.4  ft.,  the  gravel  filling  having  sunk  through  the  mud 
until  it  rested  on  the  hard  clay  beneath.' 

The  settlement  from  1885  on  was  plotted  as  a  cutVe,  and  from 
these  curves  the  ultimate  settlement  at  each  point  was  figured, 
as  also  the  date  when  it  would  become  less  than  0.01  ft.  per  year. 
These  calculations  were  used  in  setting  the  invert  grade  of  the 
sewer.  Rods  were  placed  on  top  of  the  sewer  with  the  inten- 
tion of  further  study  comparing  the  actual  settlement  with-  the 
calculated  settlement. 

A  remarkable  feature  in  the  settlement  of  this  embankment 
is  that,  while  at  points  the  fill  has  sunk  through  the  mud  until 
it  is  supported  on  the  clay  beneath,  at  other  points  it  is  still 
supported  upon  the  mud.  A  fourth  set  of  core  borings  show 
the  condition  existing  when  the  embankment  had  settled  t<r  ap- 
proximately its  permanent  position.  A  profile "  published  with 
this  paper  gives  a  good  idea  of  the  degree. to  which  the  mud  has 
been  compressed. 
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A  Tamping  Roller.  Engineering  and  Contracting,  Dec.  4, 
1907,  gives  the  following:  !  i 

The  face  of  each  roller  is  studded  with  numerous  "iron  feet" 
which  do  the  tamping.  See  Fig.  2.  In  road  or  street  work,  the 
subgrade  to  be  compacted  is  first  loosened  with  a  plow  to  a 
depth  of  about  6  in.  When  the  rolling  tamper  is  drawn  over 
this  loosened  earth,  its  iron  feet  sink  into  it  nearly  to  their 
full  length,  and  thus  begin  the  process  of  compactingi  the  earth 
at  the  hoitom.  Successive  trips  of  the  roller  over ,  the ;  earth 
result  finally  in  a  mass  so  thoroughly  compacted  that  the  "iron 
feet '"  no  longer  sink -into  it,  but  ride  on  top.      ■ 

To  test  out  the  roller,  a  clay  soil,  weighing  90  lb.  per  cu.  ft. 


[ 


l^r^-"-— '^ 


f*^r^^^^?^P543^ 


rs^. 


Fig.   2.     Traction   Engine  Drawing   Tamping'  Rollers. 


in  its  natural  state  in  place,  was  plowed  up  and  rolled  with 
rolliiig  tampers  until  their  "feet"  walked  on  top  of  the  com- 
pacted surface.  Then  a  cubical  block  of  this  soil  2  ft.  square 
and  6  in.' thick  was  dug  up  and  weighed.  Its  weight"  was  found 
to  be  115  lb.  per  cu.  ft.,  as  compared  with  90  lb.  before  rolling. 
By  mixing  some  gravel  with  the  plowed  day,  and  rolling,  a 
Weight  of  125  lb.  per  cu.  ft.  was  easily  secured. 

The  tamping  roller  is  made  by  W.  A.  Gillette,  South  Pasadena, 
Calif. 

Cost  of  Grading  Southern  Roads.  The  cost  of  grading  a  num- 
ber 'of  gravel  and  sand-clay  roads  in  several  of  the  Southern 
States  during  1910,  under  the  supervision  of  the  U.  S:  Office  of 
-Public  Roads,  is  given  in  a  text  book  on  Highway  Engineering, 
by  Messrs.  A.  H.  Blanchard  and  H.  P.  Browne.  The  costs  were 
as  f ollovFs : 


Soil 


Ou.  yd.  Ciist  per    Haul 
moved    cu.  yd.     in  £t. 


Sand '  top,    clay 
subsoil     2,400 


200 


fPicks 
<  and 
L    ers 


Tools  used 
plows,    drag 
^heel   sctap- 


Labor 
10-hr. 
day 


Team 
lO-hr: 
day, 


$1.50         $?.00; 
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Sandy  3,635       U.?  ,       223  1,80a         3.60a 


1  r-Boad  machine, 
-j  drae-soraper, 
L    5    dump    wagons..      0.50c         l.bo 


Subsoil,     sattd,^  f-Road   gradew, 

loam,  clay  and        _^  |    9  wheer  scrapers, 

^"^tnie    3,352         8.8         200     L    8    drag    scrapers'.      1.60b         2.80b 

Sand  and  clay,.    3,654         6.06        . . .  ^j^rrLrrape"' 

[    5    dv' 
Black  waxy  -  .  , 

prairie  subsoil    6,407       38.1  . . .        Plows,    graders  .....      1.50  3.00 

a  — 9-hr.   day.    b  — 8-lir.  day.    c  —  convicts,  mule  team. 

Road  Work  with  Power  Machinery.  Engineering,  and  Con- 
tracting, May  15,  1918,  describes  some  very' low  cost  work  done 
on  a  road  leading  north  toward  Pontiac,  111.        '      ' 

The  first  5  miles  of  this  highway  was  changed  from  a  narrow 
winding  road,  to  a  level,  well  drained  all  the  year  road,  60  ft. 
wide  between  fences  and  40  ft.  wide  between  drainage  ditches. 

Clearing.  The  work  of  .plearing  the  right-of-way  was  started 
on  May  1,  1917,  and  completed  June  16,  1917,  during  which 
period  5.18  acres  were  cleared  of  a  jangled  mass  of  brush  and 
shrubs  and  over  200  live  trees  from  3  in.  to  3  ft.  in  diameter. 
,  Trees  were  pulled  by  a  75-hp.  caterpillar  tractor  using  a  100-ft. 
cable.  Two  cable  outfits  were  u^ed,  so  that  the  tractor  was  not 
delayed  waiting  for  hitches  to  be  made.  The  cost  of  clearing 
the  roadway,  including  labor,  interest  on  investment  and  an 
allowance  of  20%  for  depreciation  of  equipment,  was  $990.90, 
or  $191.29  per  acre. 

M,  Grading.  The  grading  was  sta,rted  on  June  18,  1917.  One 
75-hp.  caterpillar  tractor  was  used  to  pull  two  Western  graders, 
one  12-ft.  to  make  the  cut,  followed  by  an  8-ft.  to  carry  the  dirt 
tov-the  center  of  the  road.  A  Western  elevating  grader  pulled 
by  a  75-hp.  caterpillar  tractor  was  used  in  some  places  in  mak- 
ing fills.  However,  on  some  of  the  deeper  fills  it  was  necessary 
to  use  some  other  method,  in  order  to  make  time,  and  a  75-hp. 
..caterpillar  tractpr  was  used  in  connection  witji  a  caterpillar 
land  leveler.  This  land  leveler  is  a  tool  used  extensively  in  the 
West  and  is  in  reality  a  large  scraper  having  a  capacity  of  ap- 
proximately 3%  yd.  With  this  machine  the  dirt  could  be  taken 
up  and  carried  across  the  road  and  then  unloaded  gradually  or 
at  one  time,  as  conditions  required. 

The  gravel  for  the  surfacing  of  the  road  was  taken  from  a 
nearby  creek  with  a  dragline  excavator  which  delivered  it  to  a 
loading  hopper.  With  the  dragline  excavator  working  steadily 
it  was  possible  to  keep  the  hopper  filled,  so  that  when  the  tractor 
trains  came  up,  which  consisted  of  one  75-hp.  caterpillar  tractor 
and  six  reversible  trailers,  they  could  be  loaded  without  delay 
or  without  shoveling. 
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With  this  equipment  a  total  of  a  little  over  125,000  cu.  yd. 
of  dirt  was  moved  in  75  working  days.  ,  The  total  cost,  including 
labor,'  interest  on  investment  and  an  allowance  of  20%  covering 
depreciation  on  equipment,  was  $5,147,  or  4.1  ct.  per  cubic  yard. 
At  no  time  were  more  than  8  men,  including  the  superintendent, 
employed  on  the  job.  Horses  or  mules  were  not  used  at  any 
time  in  the  worlc. 

Road  Embankments  Over  Karshy  Ground.  Highway  embank- 
ments must  often  be  built  over  soft  ground  where  an  indefinite 
amount  of  filling  material  sinks  out  of  sight.  It  is  difficult  to 
build  such  embankments  in  layers  because  the  ground  is  too 
soft  to  sustain  horses  or  machinery.  Many  ingenious  methods 
of  overcoming  the  difficulties  encountered  have  been  devised,  a 
few  of  which  are  described  in  the  following  paragraphs  given  in 
Engineering  and  Contracting,  June  30,   1909. 

In  general  some  of  the  methods  employed  in  securing  a  good 
foundation  for  roads  over  soft  ground  are  as  follows: 

1.  By  draining  the  subsoil' so  as  to  consolidate  the  ground  as 
mtich  as  possible. 

2.  Where  the  soft  material  is  not  too  deep^or  its  extent  too 
great,  a  trench  may  be  dug  and  filled  witi  M|&d  material  to 
form  a  foundation  for  the  embankment.  ^ 

3.  By  consolidating  the  soft  material  by  driving  short  piles  and 
throwing  stone  in  the  side  ditches  to  prevent  the  muck  from 
oozing  to  the  sides.  By  filling  in  with  stone  or  gratel  and  sand 
until  an  embankment  is  formed  resting  on  the  solid  ground,  and 
with  its  top  rising  to  the  required  elevation. 

4.  By  distributing  the  weight  over  the  soft  ground  by  means 
of  brush  mattresses,  timbers,  poles,  etc. 

By  Draining.  In  most  cases  the  firmness  of  the  natural 
ground  can  be  increased  by  digging  wide  and  deep  side  drains 
parallel  to  the  side  of  the  intended  road.  In  the  ease  of  bogs 
it  is  possible  by  draining  the  moss  to  condense  it  into  a  more 
or  less  solid  peat.  The  undrained  moss  of  bogs  usually  con- 
sists of  about  ,10%  of  vegetable  matter,  the  remainder  being 
water.  So'  it  is  necessary  that  the  drainage  be  at  a  gradual 
rate  to  avoid  carrying  off  particles  of  vegetable  matter,  thus 
causing  the  sides  of  the  ditches  to  cave.  The  side  drains  are 
usually  carried  down  into  the  solid  ground,  and  it  is  well  to 
cut  them  in  a  series  of  benches  so  as  to  expose  as  large  a  sur- 
face as  possible  to  the  sun  and  wind.  The  side  ditches  -are 
placed  about  30  ft.  or  more  from  the  center  line  of  the  road,  the 
distance  depending  upon  tlife  width  of  the  berm  which  is  to  be 
left  between  the  edge  of  the  roadway  and  the  side  ditch.  In  no 
case  should  the  berm  be  less  than  6  ft.,  and  it  is  better  to  have 
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it  more  than  this  if  possible.  Side  ditching  destroys  the  natural 
sustaining  power  of  the  bog,  and  the  drains  should  therefore 
be  made  a  considerable  distance  from  the  line  of  the  proposed 
road.  Cross  drains  cut  at  right  angles  to  the  side  drains 
are  placed  at  frequent  intervals,  in  most  cases  about  30  ft. 
apart.  These  cross  drains  should  extend  across  the  site  of  the 
intended  road  and  beyond  the  side  drains  from  50  ,to  100  ft. 

By  Consolidating  the  Soft  Material.  This  was  done  in  one 
case  as  follows :  A  country  road  supervisor  was  told  to  construct 
a  corduroy  road  across  swampy  ground.  Instead  he  took  the 
logs  and  drove  them  endwise  beside  the  road.  These  logs  kept 
the  muck  from  oozing  to  the  sides  and  the  road  proved  very  sat- 
isfactory. The  logs  were  about  16  ft.  long  and  were  put  down 
with  a  hand  pile  driver  made  of  an  elm  butt,  with  three  handles 
so  that  three  men  could  be  used  ou  it.  In  another  case  a  country 
road  superintendent  drew^  cobblestones  in  the  winter*  time  and 
threw  them  into  the  ditch  alongside  the  road.  In  the  spring 
the  stones  sank  out  of  sight.  The  next  winter  he  threw  in  more 
stones.  These  stones  sank  some  but  not  out  of  sight,  and  as  a 
result  he  had  two  walls  on  each  side  of  his  road  so  that  the 
muck  could  not  ooze  to  the  sides.  There  has  been  no  sinking 
of  this  road  since. 

Filling  in  with  Solid  Material.  This  method  is  often  employed 
in  the  case  of  sink  holes  and  for  soft  places  of  no  great  length  or 
depth.  In  one  instance  a  sink  hole  about  60  ft.  long  Vas  filled 
in  the  following  manner:  A  crossway  aboVe  the  water  level 
was  first  constructed  of  3-ft.  second  growth  ash  poles.  On  this 
cobblestones  were  placed  to  a  depth  of  2  ft.  and  flanked  by 
boulders  to  hold  the  dirt.  The  stone  was  then  covered  with 
gravel  to  the  level  of  the  road  on  each  side  of  the  sink  hole.  - 

Distributing  the  Weight  Over  the  Soft  Ground.  Various 
methods  have  been  employed  for  "  floating "  a  roadway  or  rail- 
way embankment  over  soft  ground.  In  one  instance  a  railroad 
grade  that  has  stood  up  for  over  12  years  without  any  trouble 
was  built  over  ground  so  soft  that  a  pole  could  be  run  down 
30  ft.  by  hand,  by  first  making  a  mat  of  trees  and  then  placing 
earth  on  top  of  the  mat.  The  trees  were  from  11^  in.  to  3  in. 
in  diameter.   , 

In  another  case,  a  temporary  road  across  a  marsh  of  soft 
mud  covered  with  high  grass  was  built  in  the  following  manner: 
Drift  wood  was  placed  along  the  line  of  the  proposed  road,  the 
bottom  layer  of  sticks  being  placed  lengthwise  and  the  top  layer 
crosswise.  The  high  marsh  grass  was  then  cut  and  spread  over 
the  timber  and  covered  with  earth. 

Somewhat  similar  methods  were  used  in  the  construction  of  a 
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permanent  road  through   a  marsh.     The  marsh  was   about   one 
miley  andi  was  covered  with  water  from  a  few  inches   to  2,  ft. 
deep.-    The  marsh  was  covered  with  vpild  rice  about  ,8  ft.  high, 
with  stajks   from  %   ™-   tp   1^  in.   in   diameter   at   the  bottom. 
Through  the  central  portion  there  was  an ,  open  channel  about 
10  ft.  wide,  which  widened  out  into  small  pools  every  few  hun- 
dred feet.     The  channel. and  pools  had  froin  3  to  4  ft.  of  water 
and   about   the   same   depth   of   decayed   vegetable   matter.     The 
turf  was  about  1   ft.  thick  with  from  2  to  6  ft.  of  soft  black 
vegetable  mould  underneath,  beneath  which  was  a  hard  bottom 
of   blue   clay.     Beginning  at;  dry  ground,   an    18-ft.  x  1-ft.  x  l-iij. 
board  was  laid,  lengthwise  on  the  outside,  9  ft.  from  the  center 
of  the  proposed  road.     Another  board  was  laid  in  the  center  6  ft. 
in  advance  of  the  first  board  and  a  third  board  laid  on  the  opposite 
side  6  ft.  in  advancp  of  the  second  boar.d.     The  three  longitudinal 
pieces  were  covered  with   18-ft.  inch  boards  laid  crosswise  and  • 
nailed  as  fast  as  laid  to  keep  them  in  their  places.     Three  more 
boards  were  placed  lengthwise  on  these,  one  each  side  and  one  in 
the  center,  and  nailed  through  into  the  boards  underneath.  "Wild 
rice  for  a  space  of  about  75  ft.  on  each  side  was  cut  down  and 
forked  onto- this  "floating"  platform,  making  a  compact  cover- 
ing about  2 .  ft.  thick.     A  turn  around  for  teams  was  made  at 
the  end  of  the  first  500  ft.  of  road.     The  first  500  ft.  of  roadbed 
was  then  covered  to  a  width  of  16  ft.  with  about  15  in.  of  stones, 
and  on  this,  was  placed  3   in.  of  crushed  stone,     The  road  was 
built  in   500-ft,  sections,  ,the  turn  around,  which  was  made  3S 
ft.   square   of  doubled,  boards,   being ,  moved  to   thie  end  of  each 
section.    A    pond   about   200   ft.    wide   near   the   middle    of   the 
inarsh  was  crossed  by  a  bent  bridge  50  ft.  wide  and  by  platforms 
the  same  as  those  used  on  the  marsh,  except  wider.     The  road  did 
not  break ,  through  the  turf   in   any ,  place  and  only   settled  an 
average  of  2  ft.     This  croad  was  in  service  for  over  25  years. 

In  one  instance  a  wagon  road,  was  constructed  over  a  bog 
by  placing  a.  layer  of,  brush  forming  a  mattress.  On  top  of  this 
mattress  was  placed  material  taken  from  the  side  ditches,  and 
on  top  of  this  was  placed  a  layer  of  larger  stone,  the  whole  be- 
ing surfaced  with  5  in.  of  gravel.  In  this  case  the  surface  of 
the  bog  was  drained,  care  being  taken  to  place  the  drainage 
ditches  so  that  they  would  not  impair  the  sustaining  power 
of  the  natural  crust  of  the  bog. 

In  another  case  a  road  was  constructed  over  a  soft,  deep,  wet 
and  yielding  swamp  on  a  raft  constructed  of  long  poles.  Long 
(poles  laid  longitudinally  with  b^oke^  joints  formed  the  bot- 
tom course,  and  a  second  course  was  formed  by  poles  laid  trans- 
versely.   ,The  two  courses  were  then  covered  with  brush,  and  on 
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this  was  laid  the  earth  and  surfacing  materials.  The  grade 
line  was  kept  low  and  the  filling  was  a  clay  loam.  The  'black 
vegetable  mould  from  the  swamp  should  not  be  used  'for  the 
earth  covering.  It  is  better  to  use  clay  loa,m,  a  gravelly  loamj 
or  clay.  Sand  when  slightly  moist  iaakes  a  good  foundation 
material.  In  some  of  these  roads  there  has  been  remarkably 
little  settlement.  In  the  case  of  one  road  there  was  a  settle- 
ment only  of  2  in.  after  the  roadbed  had  been  subjected  to  heavy 
traffic  for  over  a  year.  This  embankment  was  built  from  peat 
bog  at  the  elevation  of  mean  high  tide,  but  too  soft  to  sustain 
a  man  without  sinking  in  nearly  to  the  knees.  The  road  was 
20  ft.  wide  wi^h  a  40-ft.  carriageway  and  the  grade  line  was  an 
incline  varying  from  4  to  20  ft.  above  the  surface  of  the  marsh. 
The  depth  to  the  hard  bottom  was  8  ft.  below  the  bOg  surface. 
"  Dry  peat  was  used  by  George  Stephenson  to  carry  the  Liver- 
pool &  Manchester  Ry.  across  Chat  Moss  in  Great  Britain., 
On  the  dry  peat  embankment  was  placed  two  layers  of  •  bundles 
to  carry  the  ballast. 

••One  of  the  first  railroads  constructed  in  New  York  state  was 
carried  across  a  swamp  by  spreading  the  pressure  over  a  large 
surface  by  means  of  a  wooden  platform. 

In  the  construction  of  a  short  piece  of  railroad  over  float- 
ing land  it  was  not  possible  to  put  in  a  trestle  because  the  ground 
was  not  strong  enough  to  hold  the  piling.  Accordingly  i  small 
willow  brush,  which  abounded  along  the  right  of  way,  was  cut 
and  bound  into  mattresses,  which  were  spread  in  a  uniform 
binding  plan  across  the  right  of.  waj..  Stringers  to  support  the 
ties  were  then  laid  parallel  to  the  line  of  the  road.  Dump 
cars  were  next  pushed  out  on  this  road  and  sufficient  dirt  was 
brought  up  and  spread  to  allow  of  flat  cars  :being  pushed  out 
on  the  track  with  an  engine.  The  fill  made  in  this  way  had  a  ,2 
to  1  slope,  and  in  the  main  the  plan  was  successful,  although,  in 
some   places  the  roadbed  failed  to  ho^ld. 

In  Cape  May  County,  New  Jersey,  a  number  of  roads  have 
been  constructed  across  marsh  lands  to  connect  seashore  resorts 
with  the  main  land.  TTiese  marsh  lands  consist  of  large  deposits 
of  soft  mud,  in  many  cases  25  ft.  deep,  overlain  by  a  sod  or 
crust  of  sedge  or  grass  roots;  In  many  cases  Jthis  crust  is  not  of 
sufficient  stitength  to  support  the  weight  of  a  horse.  The  methi 
ods  employed  in  constructing  these  roads  were  as  follows :  A 
foundation  is  laid  of  poles  and  stringers  of  sufficient  area  to 
support  the  weight  of  filling  soil  and  pavement^  together  with 
the  added  weight  of  travel,  without  breaking  down  the  meadow 
crust.  The  sides  of  the  roadway  are  protected  fromwa^h. by 
curbing  and  bulkheading  on -both  sides  of  the  road  throughout 
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the  entire  length,  and  also  by  a  continuous  line  of  mud  banks 
solidly  compacted  against  the  outerside  of  the  curbing.  In  some 
of  the  latest  roads  constructed  by  the  county  a  "  tie  "  is  placed 
every  8  ft.  under  the  pole  foundations  at  right  angles  to  the 
center  line  of  the  road.  ,  These  ties  are  securely  spiked  or  bolted 
to  the  piling  supporting  the  side  curbing  or  bulkheading  and 
thus  bind  the  two  lines  of  curbing  together,  preventing  the 
spreading  of  the  roadway  and  at  the  same  time  carrying  a  part 
of  the  weight  of  the  roadbed  to  the  piling.  After  the  pole 
foundatiolis  are  properly  laid,  good  soil  is  filied  in  between  the 
lines  of  curbing  until  the  required  elevation  is  reached,  after 
which  shells  and  gravel  are  spread  over  the  roadway  until  the 
finished  surface  is  brought  to  an  elevation  of  about  2  ft.  above 
the  mean  high  water  level.  The  pavement  that  has  given  satis- 
faction on  these  roads  consists  of  oyster  shells  spread  5  in. 
deep  and  covered  with  4  in.  of  gravel. 

Soniewhat  different  methods  from  those  given  in  the  preceding 
paragraph  were  used  in  the  construction  of  a  road  in  Atlantic 
County,  New  Jersey.  This  road  was  constructed  across  salt 
meadows,  the  mud  varying  in  depths  from  6  to  28  ft.  The  sur- 
face along  the  line  of  the  road  was  mostly  a  floating  sod,  vary- 
ing in  thickness  from  2  to  4  ft.;  below  this  was  a  semi-liquid 
mud  resting  upon  hard  pan.  The  latter,  in  a  few  places,  was 
only  4  ft.  thick,  and  below  this  was  another  stratum  of  soft 
mud.  The  first  layer  of  hard  pan  was  depended  upon  to  support 
the  roadway.  The  approaches  to  a  bridge  along  the  line  of  the 
road  were  piled,  a  water,  jet  and  hammer  being  used  to  put 
down  the  piles.  In  driving  the  piles  the  first  resistance  was 
met  at  a  depth  of  28  ft.;  at  35  ft.  this  resistance  disappeared 
and  the  pile  with  weight  of  hammer  sank  indefinitely.  Accord- 
ingly the  piles  were  only  driven  to  a  depth  of  30  ft.  The  pit  at 
this  point,  however,  extended  for  only  a  short  distance,  and  in 
most  cases, a  solid  bed  of  gravel,  sand  or  clay  was  usually  struck 
at  a  depth  of  from  10  to  20  ft.  below  high  tide.  After  the  line 
of  road  was  located,  sod  banks  5^  ft.  high,  12  ft.  wide  at  the 
base,  and  2  ft.  wide  at  the  top  were  built.  This  sod  was  taken 
from  between  the  banks  and  was  placed  with  the  grass  side  out. 
The  inside  edges  of  the  sod  banks  were  60  ft.  apart.  The  space 
between  the  sod  banks  was  then  filled  in  with  sand  dredged  from 
an  adjoining  bank  and  pumped  through  'pipes  for  a  distance  of 
one-half  mile  or  more.  As  the  sand  settled  it  pushed  the"  mud 
sidewise  until  it  reached  an  equilibrium  or  the  sand  rested  on 
the  hard  pan.  When  the  bed  of  sand  was  6  ft.  above  the  level  of 
the  meadow  its  weight  was  sufficient  to  displace  the  mud  along 
^he  line  of  the  road,  and  a  good  fqundatlon  was  secured.^    There 
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were  a  number  of  silt  ponds  along  the  right  of  way  of  tho 
road  and  at  these  points  there  was  no  sod  for  banks.  Pine 
bulkheads  were  used  at  these  places.  After  the  sand  fill  had 
thoroughly  settled  the  roadway  was  given  the  proper  crown  and 
surfaced  with  a  coating  of  gravel. 

Methods  in  a  way  similar  to  those  previously  described  are 
sometimes  used  in  Yukon  Territory,  Alaska,  in  constructing 
roads  over  frozen  muck  and  gravel .  fiats.  The  ground  usually 
consists  of  a  layer  of  frozen  gravel,  next  a  layer  of  frozen  muck 
and  on  this  a  layer  of  moss.  A  bed  of  3-fn.  poles  is  laid  length- 
wise on  the  layer  of  moss,  then  comes  a  layer  of  brush  placed 
crosswise  and  on  top  is  broken  stone  or  gravel.  The  layer  of 
brush  is  usually  1  ft.  thick  and  the  surface  of  gravel  or  stone  is 
6  in.  thick.  The  top  width  of  the  road  is  16  ft.  in  most  cases. 
Such  a  road  built  over  frozen  ground  costs  about  $3,200  per 
mile  and  can  be  maintained  at  much  less  cost  than  a  road  built 
along  hill  sides.  In  constructing  roads  of-  this  type  it  has  been 
found  best  to  leave  the  moss  intact  under  the  bed  of  poles,  as 
it  protects  the  ground  from  tha-i^ing.  The  black  frozen  muck, 
having  the  consistency  of  solid  stone,  remains  as  a  firm  bed. 
The  side  ditches,  usually  3  ft.  deep,  are  cut  either  entirely  in 
muck  or  partly  in  muck  and  partly  in  underlying  gravel,  /niese 
conditions  vary  with  the  thickness  of  the  muck.  The  inside 
-faces  of  the  ditch  are  often  banked  with  sod,  thus  furnishing  an 
additional  protection.  In  the  construction  of  a  side  hill  road 
it  is  necessary  to  cut  into  the  moss  blanket,  and  as  a  result  the 
frozen  muck  is  thawed  out  by  the  sun  and  seepage  water  and 
becomes  a  soft,  slimy  mass.  The  cost  of  maintaining  such 
roads  has  been  found  to  be  so  much  greater  than  for  roads 
on  flat  ground,  that  the  latter  are  now  constructed  even  if  the 
distance  between  the  termini  is  greater. 

Compression  of  Marsh  Soil.  When  a  bank  is  filled  on  marsh 
land  there  is  first  compression  of  the  lighter  marsh  material 
between  the  heavier  filling,  then  a  shrinkage  of  filling  material, 
and,  third,  a  gradual  settlement  of  the  embankment,  compact- 
ing and  displacing  the  softer  marsh  that  sometimes  continues 
for  many  years.  Eugene  R.  Smitji,  in  Transactions  American 
Society  of  Civil  Engineers,  vol.  37  (1897),  gives  data  on  the- 
compressibility  of  salt  marsh  at  Islip,  Long  Island,  N.  Y.,  under 
the  weight  of  an  earth  fill.  This  salt  marsh  (locally  known 
as  meadow)  consists  of  a  growth  of  salt  grasses  on  mud  just 
above  the  level  of  ordinary 'high  tide.  The  mud  consists  of, 
an  accumulation  of  decayed  seaweed  and  other  vegetable  mat- 
ter, and  is  very  soft  and  compressible.  The  sod  forms  a  cover- 
ing over  the  mud   and   distributes,  in  some  measure,  the  pros- 
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sure  due  to  the  weight  of  the  filling  material  placed  above. 
The  pressure  on  the  mud  from  the  fill  increases  the  .firmness, 
of,  the  mud  by  sqjieezing  out  the  water. 

The.  specifications  called  for  a  fill  3  ft.  high  above  the  ordi- 
nary level  of  the  meadow  surfa,Qe  or  about  3.,4  ft.  aboye  ordi- 
nary high  tide.  The  wo;rk  tos  performed  by  an  18-in.  centrifugal 
pump  dredge,  dredging  sand  from  Great  South  Bay.  adjacent 
and  from  a  canal  dug  through  the  meadow.  This  sand  was  a 
very  ,sh,arp  quartz  and  weighed,  from  2,875  to  2,956  lb.  dry  and 
3,037   to,  3,118  lb.  wet- per   cu.   yd. 

.,  The  percentage  of  compression,  of   various   depths   of   meadow 
sod  ranging  from  1.5  to  6.6  ft.  thick  during  periods  from   1  to,, 
12    months    are    given    iUj    detail    by    Mr.    Smith..    The    general 
average  compression  for  all  thicknesses  was  as  follows: 

Months  '  1  2  4  6    "       8  '9  10         11 

Peroeiltage    ....10.0      13.1      15,1      15.9      16.9      16.6      16.2      16.7 

Meadows  averaging  2.7  ft.  thick  ran,ging  from  1.5  to  3.5,  ft. 
inclusive,  varied  from  the  general  average  by  minus  percentages 
ranging  from  2.3  for  a  period  of  ,1  mo.  to  5.6  for  a  period  of  11 
mos.  .Meadows  averaging  4.7  ft.  thick,  ranging  froia  ,3.6  to  6.5 
ft.  inclusive,  varied  from  the  general  average  by  plus  percentages 
ranging  from  0.9  for  a  period  of  1  mo.  to  2.8  for  a  period  of  11 
mos.  Meadows  over  6.6  ft.  thick  and  averaging  6.9  ft.  varied  from 
the  general  average  percentage  of  compression  by  plus  percent;- 
ages  rrangjng  J rom  0.9  for  a  period  of  1  mo.  to  1.3  for  a  period 
of  11  mos.  .,     , 

Mr.  Smith  States  that  his  experience  in  January,  when  the 
rise  and  fall  of  the  tide  was  greater,  indicated  that  great 
changes  in  t^de  level  perinitted  an  opportunity  for  -the  meadow 
to  dry  out  and  reduced  its  compressibility  under  filling. 

Railway  Embankments.  These  are  seldom  built  in  layers  ex- 
cept when  they  are  made  by  scrapers  or  barrows.  For  high  fills 
the  usual  practice  is^  to  bujjd  out  from  the  end  or  to  dump  froni 
trestles.  Consolidating  during  construction  usually  being  im- 
practicable, allowance  for  shrinkage  rnust  be  made.  This  can 
be  done  in  several  ways: 

(1)  By  raising  the  height  of  crown  above  the  esta,blished  sub- 
grade  by   a  percentage   of  embankment  height. 

(2).  By  adding  additional  width  to  the  standard  crown  width. 

(3)  B^  combining  methods  one  and  two. 

(4)  By  adding  a  shrinkage  percentage  to  the  height  of  em- 
bankment, computing  a  new  slope  distance  for  this '  corrected 
height,  thus  increasing  the  width  between  slope  stakes. 

The  last  method   seems   unusual   and   defeats,  the   purpose   of 
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shrinkage,  as  it  adds  width  to  the  embankment  where  gravity 
and  the  action  of  the  elements  naturally  provide  it.  In  cases 
where  sliding  or  sloughing  is  to  be  expected,  it  is  better  practice 
to  increase  the  slope  ratio. 

While  raising  the  height  of  crown  places  the  material  where 
it  is  most  iieeded,  it  has  the  disadvantage  of  making  temporary 
humps  in  the  grade  line.  If  the  fill  is  on  ma;ximum  grade  the 
allowance  for  shrinkage  may  cause  that  grade  to  be  exceeded 
to  a  serious  extent  until  the  ultimate  shrinking  has  taken  place. 
This  leads  to  the  practice  of  adding  additional  width  to  the 
crown,  the  extra  material  being  used  to  raise  the  tracks  after 
subsidence  takes  place. 

In  building  a  long,  high  levee,  gravelly  earth  was  dumped 
through  a  temporary  trestle,  and  spread  with  a  dragline  scraper. 
The  material  was  kept  soaked  with  water  from  a  pipe  line  on 
the  trestle.  For  about  5  cts.  per  cu.  yd.  it  was  thus  spread  iij 
layers  and  compacted.  This  is  a  relatively  cheap  method  that 
might  be  used  on  railway  embankments  where  subsidence  is  suf- 
ficiently objectionable  to  warrant  the  cost  of  consolidation. 

Subsidence  of  Embankments  on  Soft  (rround.  This  is  usually 
treated  by  continuing  to  fill  until  either  the  soft  material  is  en- 
tirely replaced  or  until  it  is  sufficiently  compacted  to  carry  the 
required  load.  HenCe  it  often  happens  that  railroad  embank- 
ments contain  much  more  material  than  appears  on  the  surface. 
The  importance  of  discovering  this  hidden  embankment  in  val- 
uation work  is  obvious.  F.  J.  Wright,  in  Engineering  Record, 
Mar.  3,  1917,  describes  surveying , work  on  the  C.  C.  C.  and  St. 
L.  Ry.  to  disclose  the  "  lost  yardage." 

The  depth  to  which  the  different  fills  had  subsided  ranged  all 
the  way  up  to  25  ft.  The  filled  material  also  varied  greatly, 
so  that  it  was  found  expedient  to  use  two  methods  in  determin- 
ing the  slope  of  subsidence  —  ( 1 )  the  excavation  of  test  pits  at 
the  toe  of  the  slope  and  (2)  the  drilling  of  test  holes  through 
the  fill.  '  . 

'The  fills  tested  by  the  excavation 'Of- pits  wete  either  those 
which  "had  subsided  a  coiiiparatively  small  amount  or  those 
made  of  rock  and  other  coarse  material,  making  drilling  im- 
possible." The  pits  were  dilg  at  the  toe  of  the  slope,  from  100 
to  200  ft.  apart,  between  the  pcriilts  of  no  subsidence  at  the  ends 
of  the  fill.  The  excavation  of  each  pit  was  carried  back  several 
feet  into  the  fill,  the  depth  varying  as  the  downward  slope  of  the 
surface  of  the  old' ground  toward  the  center  of  the  fill. 

Test  pits  were  impractical  in  sounding  fills  which  had  sub- 
sided more  than  8  or  10  ft.  The  presence  of  water  near  the 
suVface  of  the  marsh  or  bog  made  the -teat-pit  method  more  un- 
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satisfactory.  When  these  conditions  were  found,  test  holes  were 
drilled  down  through  the  fill  with  an  ordinary  soil  auger  until 
old  ground  was  reached.  To  facilitate  drilling,  pits  wjere  usu- 
ally dug  at  the  toe  of  the  slope,  in  about  the  manner  shown 
in  Fig.  3. 

The  drilling  outfit  consisted  of  the  following  material:  One 
2-in.  soil  auger  welded  to  a  6-ft.  length  of  Yg  x  ll/^-in.  galvanized- 
iron  pipe,  the  upset  end  threaded  for  a  1%-in.  standard  pipe ;  ten 
5-ft,  lengths  of  1,^  x  1^-in.  galvanized  pipe,  threaded  at  both 
ends;  fliree  5-ft.  lengths  of  %g  x  2l^-in.  galvanized  pipe  (casing)  ; 
eighteen  114-in.  galvanized  pipe  sleeve  couplings;  'two  IC-in. 
Stillson  pipe  wrenches,  and  one  length  of  2-in.  galvanized  pipe 


Fig.  3.     Typical  Arrangement  and  Depths  of  Drill  Holes. 


fitted  with  a  standard  13,4-in.  galvanized  pipe  tee  at  the  center 
(handle) , 

When  the  test  holes  were  less  than  6  ft.  deep,  the  pipe  handle 
was  attached  to  the  end  of  the  auger.  In  the  case  of  deeper 
holes  the  pipe  handle  was  removed  and  pipe  lengths  wefe  added 
as  the  depth  of  the  hole  demanded,  the  auger  being  turned  with 
the  pipe  wrenches.  The  pipe  casing  was  used  only  in  fills 
containing  cinders,  sand,  or  coarse  gravel,  and  was  driven  down 
until  it  passed  through  the  material  causing  the  difficulty  in 
drilling. 

In  putting  down  a  test  hole,  the  driller  withdrew  the  auger 
at  about  every  foot  of  depth,  and  the  earth  brought  up  was  ex- 
amined and  removed.  The  drilling  was  continued  until  material 
was  reached  which  could  be  identified  with  the  surrounding 
land.  In  cases  where  the  filled  earth  and  old,  ground  were  sim- 
ilar as  to  color  and  formation,  roots  and  twigs  in  the  latter 
aided  in  distinguishing  "between  them. 

The  estimated  yardage  due  to  subsidence  of  eight  fills  sounded 
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was  250,000  cu.  yd.  This  work,  which  involved  1,090  lin.  ft.  of 
drilling  and  270  cu.  yd.  of  shovel  work,  was  accomplished  at  a 
total  cost  of  $305. 

Subsidence  Investigations,  C.  B.  &  ft.  R.  R.  W.  W.  K.  Spar- 
row, in  Engineering  News-Record,  June  20,  1918,  gives  the  fol- 
lowing : 

A  hidden  quantity  of  material  30%  in  excess  of  the  apparent 
amount  was  found  by  the  valuation  department  of  the  Chicago, 
Burlington  &  Quincy  R.  R.  in  a  peat  bog  in  northern  Illinois. 
At  a  cost  of  $313  material  amounting  to  80,000  cu.  yd.  was  found, 
mainly  by  means  of  test  borings.  The  bog  was  under  a-  20-ft. 
fill  which  extended  both  ways  from  the  bog.  The  entire  extent 
of  the  latter  was  only  1,100  ft.,  and  the  appearance  of  th'e  ground 
surface  was  no  different  from  that  on  either  side  of  it. 

To   ascertain   the  extent   and  the   amount  of   subsidence,   test 
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Fig.   4.     Typical   Cross-Section   Near   Midpdint   of   Bog. 


holes  were  put  down  by  means  of  a  2^-in.  wood  auger  attached 
to  a  %-in,  gaspipe  cut  into  convenient  lengths.  Trenching  was 
resorted  to  at  a  few  points,  but  did  not  give  as  satisfactory 
results  as  the  test  holes. 

Where  undisturbed,  the  bog  showed  a  top  stratum  composed  of 
a  black  dirt  which  gradually  turned  into  a  stratum  of  brown 
crumbly  material  known  as  peat.  Under  this  was  a  plastic 
mass,  gray,  which  after  a  few  feet  turned  to  a  greenish  color. 
It  was  possible  to  push  the  auger  through  this  stratum  without 
turning  it;  the  whole  gave  off  a  strong  odor  of  marsh  gas,  and 
when  the  auger  was  withdrawn  the  hole  closed  at  Once.  Un- 
der this  mass  a  stratum  of  stiff  blue  clay  was  found,  and  at 
succeeding  depths  this  material  was  found  to  become  harder, 
with  a  tendency  to  contain  gravel. 

Tests  on  either  side  of  the  bog  developed  a  different  forma- 
tion, in  which  no  subsidence  was  found.  The  surface  material 
was  the  same  as  for  the  bog.  Under  it  a  blue  clay  was  foimd, 
containing  streaks  of  yellow  which  gradually  disappeared,  leav- 
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iiig  tlie  material  exactly  the  same  as  that  found  under  the  plastic 
mass  in  the  bog.  '  '  '■  '• 

Fig.  4 -shows  the  location  of  test  holes,"  the  strata  revealed' by' 
them  and  tlie  amount  of  hidden  material  compared  with  the  vis- 
ible embankment;  The  yardage  of  embankment  above  the  ap- 
parent ground  line  within  the  limits  of  the  bog  was  61,300..  The 
yardage  of  hidden  material  was  80,000,  showing  the  hidden  quan- 
tity to  be  30%  in  excess  of  the  apparent  quantity.  To  obtain 
the  data,  foiir  mfen,  receiving  a  total  of  $19.55  per  day,  worked 
16  days,  this  cost  amounting  to  $312.80.  Fifty-two  holes  were 
bored  to  an  average  depth  of  21  ft.,  and  25  to  an  average  depth 
of  6^  ft.  The  cost  of  the  survey  per  linear  foof  of  hole  bored 
was  24  ct.  The  cost  per  culiic  yard  of  hidden  material  revealed 
was  0.4  ct.  ,  ,  ,       , 

Temporary  Trestles.  These  are  often  used  to  carry  construc- 
tion track  in  building. embankments.  Dumping  from  them  saves 
the  use  of  a  considerable  number  of  men  who  would  be  required 
to  raise  the  trades^  with  jacks  from  time  to  time  if  no  trestle 
was  used.  Most  of  the  timber  used  in  trestle^rremains  buried  in 
the  fill.  Trestles  are  a  frequent  source  of  difficulty.  They  are 
always  in  danger  of  injury  from  rocks  or  boulders  in  the  filling 
material.  Subsidence  of  the  ground  due  to  the  weight  of  the 
growing  embankment  frequently  destroys  their  alignment  and 
usefulness.  So  many  factors  enter  into  the  question  of  the  econ- 
omy of  using  ;trestles  that  each  case  must  be  decided  for  itself. 
It  is  impossible  to  state  any  minimum  height  of  embankment  for 
which  dumping  from  temporary  trestles  would  be  cheaper  than 
raising  the  track. 

Engineering  News,  Aug.  9,  1906,  describes  the  method  em- 
ployed to  raise  an  old  embankment.  Earth  was  first  dumped 
from  the  old  main  track  and  spread  with  a  Jordan  spreader. 
New  track  was  laid  on  the  newly  dumped  material  and  the  em- 
bankment widened  to  slope  stakes  by  throwing  the  track.  The 
new  track  was  then  thrown  to  the  final  center  and  raised  by 
tamping.  Thirty  men  handled  30,800  cu.  yd.  of  fill  in  one  month. 
Their  pay  at  $1.75  per  day  was  $52.50  daily  or  3.4  cf.  per  cu. 
yd.  A  trestle  would  have  released  22  men,  making  a  saving  of 
2.5  per  cu.  yd.  or,  3?  ct.  per!  lin.  ft.  of  embankment  built,  which 
was  not  enough  to  cover  the  cost  of  the  10-ft.  trestle  required. 
On  a  higher  fill  a  trestle  would  have  saved  its  cost. 

Costs   of   Temporary   Trestles.     Engineering   and    Contracting,  ' 
July  20,   1910,  quotes  D.  J.  Hauer  in- discussion  of  a  paper  on 
building  embankments  which  was  presented  before  the  Am.  See. 
of ,Eng,  Contractors  as  follows: 

In  regard  to  costs,  I  might  say  that  in  building  a  large  number 
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of  itemporary  trestles,  and  keeping  very  accurate  >j-ecords,  where 
logs  could  be  obtained  on  the  ground  at  from  3  to  5  ct.  per  linear 
foot,  and  carpenter  wages  were  from  $2,50  to  $3.00  a  day,  my  ex- 
perience is  that  the  co^t  of  a  trestle  ranges  anywhere  from  1  to 
8  et.  per  eu^  yd.  Over  low  structures,  where  the  amount  of  ma- 
terial to  he  dumped  is  not  large,  the  cost  runs  frequently  from  4 
to  5  ct.  per  cu.  yd.,  and  maybe  a  little  higher;  although  in  one 
case,  near  Savannah,  Ga.,  I  erected  a  long,  low  temporary  trestle, 
at  an  average  height  of,  8  ft.,  for  2i^'  ct.  a  yd.  But  I  was  able 
to  get  my  stringers  by  buying  and  reselling,  so  the  cost  was  only 
$2  per  thousand.  For  the  short  bents,  placed  on  18-ft.  centers, 
I  was  able  to  get  the  timber  oflf  tlie  right-of-way.  But  on  that 
same  work,  where  we  were  compelled  to  buy  our  longer  timbers, 
the  cost  was  about  3  ct.  a  cu.  yd.  for  a  trestle  about  28  ft.  high. 

On  one  job  ii)  North  Carolina,  1  erected  temporary  trestles, 
varying  in  height  from  30  ft.  to  50  ft.,  in  some  cases  triple-deck 
in  their  framing,  and  they  cost  from  2%  ct.  to  5  ct.  per  cu.  yd. 
for  the  material  plaeed  in  the  embankment.  The  cost  of  timber 
was  3  ct.  per  lin.  ft.,  and  carpenters  were  paid  $2,50  a  day.  The 
amount  of  iron  was  small,  being' in  the  bents  mostly.  The 
stringers  and ,  ties  were  not  fastened  with  metal. 

I  have  some  costs  of  one  structure,  about  TO  -  ft.  high,  where 
the  price  of  timber  was  about  5  ct.  a  foot,  and  of  labor  $3  %  day 
for  the  carpenter,  and  the  average  cost  of  the  trestle  was  between 
7  and  8  ct.  per  cu.  yd.  There  were  something  like  150,000  cu. 
yd. 

Dumping  Trestles  on  the  Southern  Ry.  Engineering  News, 
Nov.  16,  1916,  illustrates  several  trestles  in  use  on  the  Southern 
Railway. 

Railway  fills  are  made  chiefly  by  dumping  from  one  or  more 
lifts  of  trestle  or  by  building  one  trestle  aiid  then  jacking  the 
track  to  grade.  As  is  the  case  on  most  large  grading  jobs  where 
several  contractors  are  doing  the  wprk,  both  these  methods  are 
in  use  in'  grading  the  50-mile  f  second-track  Southern  Ry.  relo- 
cation between  Central,  S.  C,  and  Cornelia,  Ga. 

Half  a  mile  south  of  Ayersville,  Ga.,  the  trestle  for  a  fill 
on  the  new  line  is  built  on  the  side  of  the  old  70-ft.  fill.  This 
trestle  was  not  anchored  very  securely,  as  Fig.  2  indicates.  In 
dumping  the  12-yd.  qars  were  baclfed  out  on  the  trestle  very 
carefully  and  just  far  enough  to  dump  clear.  ' 

The  timbers,  which  are  obtained  near  the  right-of-way,  are 
hauled  to  place  and  hoisted  by  hand,  by  ox  team  or  by  mules. 
Fig.  5  shows  the  design  of  a  trestle  at  Seneca,  S.  C,  in  which 
some  of  the  bents  were  wired  together. 

Two  especially  good  examples, of  the  trestle,  method  and  the 
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jacking  method  are  found  on  this  work.  Thi'  heaviest  iill  is  150 
ft.  high,  and  it  has  been  carried  up  more  than  00  ft.,  to  date,  by 
jacking  the  tracks  from  the  first  18-ft.  trestU  lift.     This  work 


Cross-Sec+ion  Elevation 

Fig.  5.     Trestle  at  Seneca,  S.   C,  Used  in  Heavy  Fill. 


i 1^ 


Fig.  6.     Trestle  Built  on   Slope  of  Old   lOf^t.   Pill.     Two-Story 

Trestle. 

is  near   Toceoa,   on  the   Lane   section.     Near   Deercourt,   Ga.,   a 
lOg-ft.  fill  is  being  made  from  three  parallel  trestles  of  increas- 
ing height.     Both  these  large  fills  are  almost  entirely  borrow. 
Cost  of  Two  Dumping  Trestles.     John  C.   Sessen,  Proceedings 
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of  the  American  RaiJway  Engineering  and  Maintenance  of  Way 
Association,  1907,  gives  the  following: 

These  trestles  were  designed  to  carry  a  loaded  train  of  5-yd. 
dump  cars  before  the  trestle  was  filled,  the  engine  being  carried 
only  after  filling.  Second-hand  material,  except  bracing,  was 
used.  Two  8  x  16-in.  stringers  were  used  for  13-ft.  spans.  The 
stringers  were  recovered,  the  balance  of  the  material  was  buried 
in  embankment.  Each  bent  consisted  of  two  piles^'  cap  and  sway 
braces. 

Name    of    Job                                 Big  Shoal  Little  Shoal 

Length  of  trestle,   ft 2,961  2,142 

Average  height;  ft 40  35 

Total  cost  of  trestle  ..,  $9,007     ,.  ..   $5,853 

Labor  cost  per  lin.  ft $1.30  $1.22 

Material  cost  per  lin.  ft ..'.            1.74  1.51 

Total  cost  per  liu.  ft \  $3.04  $2.73 

Except  as  an  approach  to  a  higher  trestle  it  does  not  usually 
pay  to  build  trestles  under  16  ft.  in  height.  For  trestles  be- 
tween 20  and  60  ft.  in  height,  the  cost  of  trestle  per  eu.  yd.  of 
earth  is' about  the  same. 

Uorable  Trestles  for  Bank  Construction.  In  Engineering 
News,  June  12,  1902,  Joseph  Wright  describes  and  illustrates 
"  A  Method  of  Bank '  Construction  by  Dumping  from  Movable 
Trestles.'-  The  bank  was  to  be  about  l)^  miles  long  and  6  ft. 
high  for  a  railroad,  over  practically  level  ground.  A  trestle 
was  built  in  sections  17  ft.  long;  the  side  on  which  the  earth  was 
dumped  being  closely  sheeted  with  plank.  Each  section  of  the 
trestle  rested  on  two  long  wooden  skids,  so  that  one  team  could 
shift  each  section  of  the  trestle  when  it  became  necessary  to 
move.  Let  it  be  noted,  however,  that  if  the  embanknient  had 
been  much  over  6.5  ft.  high 'the  pressure  of  the  earth  against  the 
plank  sheeting  would  have  Shifted  the  trestle  without  the'  aid 
of  a  team;  and  means  would  haVe  had  to  be  provided  to  keep  the 
trestle  in  place.  This  is  an  ingenious  Method,  and  enables  a 
very  long  embankment  to  be  built  without  leaving  any  timber  in 
the  bank.  ,  '  ~ 

A  method  well  adapted  to  similar  conditions,  but  where  the 
bank  is  high,  is  described  and  illlustrated  in  Engineering  News, 
Jan.  16,  1902.  A  fill  ^4  mile  long  and  60  to  65  ft.  high  was 
to  be  made  over  practically  level  ground.  Instead  of  trestling, 
the  contractor  had  a  light  movable  steel  bridge  made  with  a  span 
of  150  ft.,  and  14  ft.  between  the  trusses,  the  weight  being  about 
40  tons.  ■ 

'    One  end  of  the  bridge  was  supported  by  the  bank,  on  rollers; 
the  other  end  was  supported  by  a  wooden  tower  or  trestle  60  ft. 
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high,  made  with  bents,  each  having  three  "  stories."  The  tower 
was  16  ft.  wide  on  top  and  25  ft.  wide  at  the  bottom,  and  it 
rested  on  wheels  running  -upon  rails  25  ft.  apart.  Guy  ropes 
prevented  overturning  from  wind  pressure. 

By  using  bloclc  and  tackle,  one  team  of  horses  can  shift  the 
trestle  with  the  bridge  a  distance  of  30  ft.  in  three  hours'  time. 
A  train  of  12  dump  cars  (3  cu.  yd.  each),  running  on  a  36-in. 
gage  track  is  hauled  by  a  locomotive. 

Three  cars  are  dumped  at  a  time,  then  the  train  is  shifted,  and 
three  more  cars  dumped  exactly  where  the  first  three  stood. 
This  dumping  in  one  place  is  supposed  to  pack  the  earth  and 
prevent  Juture  settlements.  Thus  far  settlements  have  not  oc- 
curred. The  material  is  clay,  and  the  steam  shovel,  working 
night  and  day,  is  loading  about  1,600  cu.  yd.  every  24  hr.  Had 
a  temporary  trestle  been  built  the  cost  for  timber  would  have 
been  double  the  cost  of  th6  movable  steel  bridge  and  tower. 

,  These  two  methods  of  saving  timber  in  trestling  for  fills 
(where  timber  is  scarce)  illustrate  the  possibilities  of  great  sav- 
ing in  cost  when  the  contractor  has  a  full  knowledge  of  his 
business  —  and  a  goodly  share  of  ingenuity.  The  author  would 
suggest  that  the  firstcmovable  trestle  method  might  be  used  even 
for  very  high  fills,  simply  by  building  the  fill  up  in  layers  of  say 
8  ft.  thick  the  full  length  of  the  fill;  and  by  so  doing  a  more  com- 
pact embankment  would  be  secured. 

Cost  of  Carpenter  Work  on  Trestles.  In  building  an  embank- 
ment 16  ft.  high  across  Otisco  Lake,  N.  Y.,  the  author  used 
round  unsawed  timber  with  two  posts  in  each  bent;  the  caps 
were  sawed  and  the  beams  between  bents  upon  which  the  rails 
rested  were  also  sawed  timber  that  was  saved  and  used  again  and 
again.  In  this  way  the  cost  of  trestling  was  made  very  slight. 
With  carpenter  wages  at  25  et.  per  hr.,  and  labor  at  15  ct.  per 
hr.,  the  cost  of  framing  and  .erecting  the  trestle  was  $6  per 
1,000, ft.  B.  M.,  or  about  i^  ct.  per  lineal  ft.  of  heavy  timber. 

Additional  costs  are  given  in  my  "  Handbook  of  Cost  Data." 
,  A  Wire-Rope  ",  Trestle."     V.  L.  Ingle,  Jr.,  in  Engineering  and 
Contracting,  June  1,   1910,  gives  the  following: 

Usually  two  methods  are  employed  in  making  embankments 
where  locomotives  and  dump  cars  are  used.  The  first  method 
is  to  lay;  the  track  on  the  ground,  and,  by  dumping  '■  alternately 
to  right  and  left,  jack  up  the  track  until  the  required  height  is 
reached.  This  method  is  most  economically  employed  where  the 
ratio  of  length  of  embankment  to  height  is  25,  or  more,  to  1. 
The  second  method  is  to  build  a  trestle  and  make  the  fill  by 
dumping  from  it.  Building  trestles  is  expensive,  and,  if  the 
material  to  compose  the  embankment  contains  a  considerable  pro- 
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portion  of  large  rock  or  boulders,  there  is  always  iHe  danger  of 
carrying  away  a  bent  or  otherwise  seriously  injitfing  the  struc- 
ture. , 

On  a  piece  of  heavy  railroad  work  in  the  South  where  the 
embankments  were  high  one  of  the  embankments  to  be  made 
contained  about  115,000  cu.  yd.,  reached  a  maximum  height  of 
57  ft.,  and  was  slightly  over  800  ft.  long,  from  grade  point  to 
grade  point.  To  build  a  trestle  would  have  cost  between  $6,000 
and  $8,000,  and,  as  the  material  to  make  the  fill  was  mostly 
rock,  the  chances  were  very  great  that  a  part  of  the  structure 
would  be  carried  away  before  the  completion  of  the  work.  To 
avoid  the  necessity  of  constructing  a  trestle,  the  following  scheme 
was  adopted:  n  , 

^he  cuts  at  both  ends  of  the  embankment  were  opened  up  in 
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Fig.  7.    Side  View  of  Wire  Rope  Trestle  for  Making  Large  Fill. 


the  usual  manner  with  carts  for  about  60  ft.,  as  iifdicated  by  the 
dotted  lines  in  Fig.  7.  At  points,  approximately-  50  ft.  from 
each  grade  point,  deadmen  were  sunk,  and  two  1%-in.  wire  cables, 
spaced  3  ft.  6  in.,  were  stretched  from  one  to  the  other  and 
hauled  as  taut  as  possible.  At  points  about  equally  dividing 
the  iin,  three  timber  bents  were  erected^  as  shown  in  Fig.' 7. 
These  bents  were  made  from  timber  cut  on  the  right-of-way. 
Their  construction  iS' shown  in  Fig.  8.  Caps  were  about  8x8  in.' 
X  6  ft.  and  sills  about  10  x  10  in.  As  this  timber  was  cut  on  the 
ground,  the  dimensions  varied  slightly.      - 

In  erecting,  the  tops  of '  the  caps  were  brought  to -the  estab- 
lished gra^e  line,  and  the  sills  were  sunk  in  a  trench  3  or  4  ft. 
deep,  which  was  backfilled  with  rock  or  earth.  This  steadied' 
the  bents  and  prevented  their  kicking  out  at  the  foot,  under  the 
impact  of  the  dumped  material.     From  the  caps,  1-in.  guy  wires 
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were  run  out  at -angles  of  about  45'^,  in  order  to  clear  the  dump- 
ing of  jmateriali  as  far  as  possible,  and  fastened  tp  deadmen. 
The  main  cables  were  then  fastened  to  the  caps  by  wire  lashings 
and  the  ties  placed  on  them,  every  third  or  fourth  tie  being 
lashed  to  the  cables. :  The  rail  was  then  laid  on  the  ties,  brought 
to  the  established  grade  line,  and  they  were  laid  far  enough 
ahead  to  accommodate  the  length  of  train  used. 

The  method  of  operation  was  as  follows:  A  train  of  loaded 
cars  was.  backed  onto  the:  approach  fill,  and,  at  the  point  where 
the. cables  left  the  fill,  werg  dumped,  the  first  -car  on  one  side,  the 
second  on  the  other  side,  alternate  cars  on  alternate,  sides,  until 
the  entire  train  was  unloaded.  The  train  was  then  run  back 
on  the  approach  fill  and  the  cars  righted.     Dumping  the  cars  on 


Fig.  8.     Details  of  Timber  Bent  for  Wire  Eope  Trestle. 


alternate  sides  balanced  the  weight  on  the  cables,  prevented  the 
overturning  of  the  train  and  made  the  fill  about  equal  on  both 
sides  of  the  track.  All  cars  were  dumped  before  their  loaded 
weight  came  on  the  cables,  only  empty  cars  being  supported 
thereon.  Little  or  no  shoveling  of  material  was  required,  most 
of  it  sliding  to  the  bottom  of  the  fill,  and  what  little  remained 
was  generally  used  in  jacking  up  the  track.  As  the  bents  were 
approached,  more  or  less  care  was  exercised  to  prevent,  their 
being  injured,  but  no  more  so  than  on  any  other  trestle. 

The  work  was  carried  forward  in  this  manner  until  the  ravine 
had  been  spanned,  after  which  it  was  widened  out  in  the  usual 
way. 

In  building  the  trestle  it  was  assumed  that  the  deflection 
of  the  cables  at  the  center  of  a  bay  would  be  about  5%  of  .the 
span,  but,  by  jacking  up  the  track  as  the  embankment  was  made, 
the  deflection  was  reduced  to  about  3%.  When  dumping  at  the 
center  of  a  200-ft.  span  this  gave  about  a  6%  grade  for  a  dinkey 
engine  to  start  an  empty  train  on,  and  was  not  prohibitive. 
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The  plan  described  left  very  little  material  in  -the  dump,  saved 
the  main  cables,  guys,  and  caps,  and  was  much  more  quickly  and 
cheaply  carried  out  than  would  have  been  the  erection  of  an  all 
timber  trestle.  The  writer  left  for  other  work  before  the  com- 
pletion of  this  fill  and  so  has  no  exact  data  as  to  cost.  Figur- 
ing maintenance  at  the  same  rate  as  during  his  connection  .with 
the  work,  and  barring  accidents,  the  cost  should  have  amounted 
.to  about  3  ct.  per  cu.  yd.  of  embankment. 

A  Suspension  Bridge  for  Making  Fills.  Engineering  and 
Contracting,  May  19,  1909,  gives  the  following.  The  bridge  con- 
sists of  two  towers,  a  fixed  standard  cableway  tower  at  the  far 
end  of  the  embankment,  and  a  portable  steel  structure  on  the 
advancing  end  of  the  embankment,  both  supporting  a  suspended 
track.  The  movable  tower  is  25  ft.  wide  across  track,  20  ft. 
wide  in  the  direction  parallel  with  the  track,  this  width  decreas- 
ing to  12  ft.  at  the  top,  which  is  some  70  ft.  above  ground.  The 
tower  (Pig.  9)  moves  on  a  20-ft.  gage  track,  laid  on  the  fill. 
The  movement  is  by  skidding,  horizontal  steel  plates  being  at- 
tached to  the  feet  of  the  tower  legs.  At  the  top  of  the  tower 
are  special  saddles  for  the  cables. 

The  cables  are  spaced  12  ft.  apart  and  extend  from  an  anchor- 
age back  of  the  stationary  tower  to  an  adjustment  back  of  the 
portable  tower.  They  are  214-in.  wire^  rope  cables.  They  carry 
suspenders  which  support  the  track  platform;  these  suspenders 
are  spaced  12  ft.  apart  on  each  cable,  and  are  kept  to  proper 
spacing  by  connecting  bars  (two  4%x%-in.  steel  straps).  Each 
suspender  consists  of  a  6-in.  trolley  sheave  having  strap  hangers 
on  each  side  which  support  a  single-sheave  block.  A  i^-in.  steel 
cable  is  run  through  this  block  and  supports  in  its  bight  another 
single-sheave  block,  which  attaches  to  a  staple  bolt.  The  staple 
bolts  of  successive  hangers  run  through  and  support  the  platform 
girders.  The  block  and  tackle  construction  of  the  suspenders  per- 
mits their  length  to  be  adjusted  vertically  so  that  the  track 
platform  can  always  be  kept  level.  The  platform  girders  are 
across-track,  one  end  being  supported  by  the  suspender  from  the 
right  hand  cable  and  the  opposite  end  being  supported  by  the 
suspender  from  the  left  hand  cable.  These  girders  carry  two 
lines  of  stringers  on  which  ar^  laid  the  ties  and  rails  of  the 
dump  car  track. 

In  operation  the  fill  is  started  at  the  portable  tower,  the  cars 
being  backed  out  from  the  solid  embankment  onto  the  suspended 
platform  tradk  and  dumped,  a  car  at  a  time,  just  at  the  top  edge 
of  the  fill.  By  this  arrangement  practically  only  empty  cars  are 
carried  by  the  suspended  platform.  At  the  start  of  work, the 
platform  is  suspended  quite  close  to  the  tower,  but  as  the  em- 
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bankment   Is   filled   out  the  platform   is   moved   away   from  the 
tower. 

This  aerial  'cable  bridge;  is  handling  some  1,200  cu.  yd.,  of  ma- 
terial per  day,  this  being  not  the  limit  of  the  bridge,  but  the 
maximum  which  can  be  excavated  daily.     This  plant  requires  no 
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Fig.   11.     Details  of  Cable  and  Hanger. 


power  other  than  that  of  the  locomotives  used  for  hauling  ma- 
terial trains.  It  is  readily  dismantled  and  transported.  Its 
salvage  value  is  large. 

Further  details  of  this  cableway  and  suspended  bridge  are 
given  in  Engineering  News,  Apr.  22,  1909,  as  shown  in  Figs.  10 
and  11. 
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Details  of  a  Suspension  Dumping  Bridge.  Engineering  l^ews-, 
Nov.  20,  I9l3,;  gives  the  following:  i.. 

Each  tower  is  composed  of  a  pair,  of  A-frames,  braced  together 
and :  carrying  a  heavy  built-up  cap.  Upon  the  '  caps  are  plaqed 
cast-iron  saddles  for  the  two  cables,  -which  are  of  plow  steel,,  2 
in.  diq.meter.  On  the  anchprage  sides,,  the  cables,  are  led  tp  dead- 
men  embedded  in  the  ground  about  150-  ft.  from  the  tower.,  Near 
the  top  of  the  tower  they  are  connected,  by  a  ;14b.  steel  tierod, 
and  beyond  this  they  diverge  at  an  angle  of,, 3P°  ,t9  the  anchpi;^ 
ages.  The  cables  are  10  ft.  apart,  and  at  intervals rof,  10, ft.  there 
are  suspenders  or  hangers  secured  to  hooks  clamped  on  the  cables. 
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Fig.    12.     Suspension  Dumping  Bridge  fo;-,  Building  Embank- 
ments ;   Louisville  &  Nashville  R.   R.  ' 


These  suspenders  are  fourrline  tackles  of  %-in.  ateel  cable,  having 
the  upper  block  hooked  to  the  clamp  on  th?  main  cable '  aifi 
a  lower  block  hooked  to  a  belt  in  a  floorbeam  1,0x10  in.  The 
stringers  for  the  track  ties  rest  on  the  beams.  '^  Eaqh  stringer 
is  made  up  of  two  timbers  3x12  in.  The  track  is  laid  for  a 
length  sufficient  for  six  small  dump  cars,  the  first  section  of 
the  floor  is  supported  upon  small  bents,  the  bridge  floor  be- 
ginning where  the  height  becomes  too  great ;  for  such  beiits. 

A  Suspension  Bridge  and  Its  Cost.  J.  D.  Mooney  iii  Engi- 
neering and  Contracting,  Oct.  2,  1907,  gives  the  cost  of  a  "  cable 
trestle "  used  in  making  a  175,000  cu.  yd.  fill  on  the  Lake  Erie 
and  Pittsburgh  Ry.,  at  less  than  1  ct.  per  cu.  yd. 

Roebling  galvanized  bridge  cable,  21^4  in.,  was  used.  The  an- 
chors were  400  ft.  apart,  and  an  A-frame  was  erected  to  support 
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the  two  cables  in  the  middle;  this  made  each  span  200  it.  The 
anchor  at  the  north  bank  consists  of  a  log,  18  ft!  long,  24  in. 
thick,  imbedded  in  solid  rock.  Two  eyebolts  screw  into  the  log 
and  are  fastened  by  heavy  nuts  over  8-in.  cast  iron  washers. 
Connecting  with  these  eyebolts  are  two  10-ft.  chains  with  10-in. 
links  made  from  2i^-in.  iron.  These  chains  were  put  in  to  ^keep 
the  cables  from  twisting  by  covering  the  chains  with  heavy 
weights.  Two  3-in.  turnbuckles,  with  a  spread  of  3  ft.,  made  the 
connections  between  the  chains  and  the  cables.  The  cables  were 
leaded  into  the  turnbuckles.  These  turnbuckles,  which  were 
forged  especially  for  this  work,  were  used  to  take  up  the  slack 
in  the  cables.  The  anchor  at  the  south  end  consisted  of  a  log, 
25  ft.  long  and  24  in.  thick,  placed  in  a  new  fill  of  sandstone, 
10  ft.  deep.  Three-inch  planks  were  driven  in  front  of  the  an- 
chor, two  eyebolts,  22  in.  long  and  2%  in.  in  diameter,  were 
screwed  into  the  anchor  log  and  fastened  with  nuts  over  cast 
washers,  8  in.  in  diameter  and  2  in.  thick.  The  eyebolts  con- 
nected with  clevises  by  means  of  3-in.  pins.  The  cables  were 
leaded  into  these  clevises,  A  rise  of  1  ft.  in  3  ft.  brings  the 
cables  up  to  grade  and  to  the  end  timber  supports. 

The  A-frame  which  supports  the  cables  in  the  center  is  made 
of  two  bents  of  four  timbers  each,  total  height  92  ft.  The  lower 
50  ft.  of  the  frame  is  made  of  10-in.  round  timbers,  and  the  upper 
42  ft.  of  8  X  8-in.  square  timbers.  The  cables  on  the  top  of  the 
A-frame  are  8  ft.  above  grade.  The  bents  rest  on  10-in.  mud  sills. 
They  have  a  batter  of  1%  in.  to  a  foot.  The  frame  is  32x26 
ft.  af  the  bottom. 

A  train  consists  of  from  six  to  twelve  4-yd.  cars.  These  are 
emptied  at  the  south  end  of  the  ravine  and  are  pushed  out  onto 
the  cableway  as  fast  as  they  are  emptied.  The  car  rails  are 
spiked  to  ties  which  rest  on  stringers;  These  stringers  rest  on 
8-ft.  logs  fastened  to  the  cables  with  U  bolts.  The  cables  are  7 
ft.  apart.  Most  of  the  fill  is  being  made  from  a  sandstone  cut 
about  a  half  mile  distant.  This  sandstone  has  a  slope  a  little 
steeper  than  1^  to  1. 

The  following  is  the  actual  cost  of  the  ca,bleway: 

1,000  ft.  2%-iii.  Roeblijig  galvanized  bridge  cable $   ^?5-2S 

Eyebolts,  2%-iii.,  with  clevises,  for  botli  ends „„S 

2  turnbuckles  at  north  end,  3-in.  .....v. ^H'iS 

2  chains  at  north  end,  10  ft.  long,  2%-in.  iron 62.40 

4  cast  washers,  8  in.  dia.,  2  in.  thick  ,         2-« 

Timber  for  A   frame.     (All  other  timber  was  ob- 
tained on  ground.)    Upper  was  42  ft.,  14-ft.  timber, 

8x8  in.    All  bracing  and  cross  ties.  .„„„„ 

3,200  ft.  at  J34  per  M.  (delivered)   108.80 

Lower  50  ft.,  round  timber,  66  ft.  long,  bought  in 

tree '■ '■•■ 32.00 

Team  work  for  hauling  round  timber   and  pulling 

timber  to  place  for  erecting  65.00 
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-    '-■  ii,S*'"P™ter  labor  on  A  frame  and  end  bents  on  bank  231.40 

Time  ot  superinte~ndent ;....  60:00 

■        'I  'Common  labor: 

Digging  trenches  for  anchors  and  putting  up  cable- 

„  .way 112.00 

Nails  and  iron  in  A  frame  and  bents  29.40. 

Total  cost  of  cableway  .'.; $1,531.76 

A  conservative  estimate  on  the  probable  cost  of  a  timber  tres- 
tle for  this  opening,  figuring  on,  square  8  x  8-in.  timber  cut  from 
native  timber,  gives  the  following  cost: 

98,000    ft.    B.    M.    (including    posts,    caps,    bracing, 

stringers,  eteO   at  J26   $2,548.00 

Labor  putting  up  trestle,  $6  per  M.  ft 588.00 

Spikes '       98.00 

Drift  bolts    40,00 

Total  estimated  cost  of  trestle  $3,274.00 

The  wages  were  probably  about  $3  for  carpenters  and  $1.50  for 
laborers  per  10-hr.  day. 

Dragline  Excavators  for  Railway  Grading.  Engineering  and 
Contracting,  June  4,  1913,  gives  the  following: 

In  double  track  construction,  on  the  Chieago,^  Milwaukee  and 
St.  Paul  Railway,  between  Andover  and  Groton,  S.  D.,  a  fill  5 
miles  in  length  and  averaging  20  ft.  in  height  was  made  from 
natural  surface  to  subgrade  by  means  of  dragline  buckets  which 
took  the  material  for  making  the  fill  from,  side  borrow  pits. 
By  this  method  slightly  over  900,000  cu.  yd.  of  material  were 
placed  in  the  fill  in  three  months'  time.  At  times  as  many  as 
five  machines  were  in  operation.  The  booms  of  these  machines 
ranged  from  50  to  100  ft.  in  length.  When  in  service  the  buckets 
of  the  machines  were  dumped,  on  the  average,  once  a  minute. 
The  buckets  used  ranged  from  2  to  3i^  cu.  yd.  capacity.  The 
largest  machine  made  3^  cu.  yd.  of  fill  per  ;minute  v^ihen  in 
service. 

This  method  seems  to  have  a  wide  range  of  usefulness  on  rail- 
way work. 

Haulage  Equipment  Eliminated  by  Dragline  Excavators. 
Engineering  News-Record,  June  28,  1917,  describes  work  on  the 
Lorain,  Ashland  &  Southern  B.  R.,  south  of  Wellington,  Ohio. 
Nothing  heavier  than  an  8-ft:  cut  was  met  on  the  first  three 
miles.  The  dragline  machine  borrowed  for  the  fills  and  wasted 
the  cuts,  swinging  about  00  ft.  of  each  end  of  each  cut  onto  the 
adjacent  fill.  On  the  fourth  mile,  however,  a  cut  3,000  ft.  long, 
1,100  ft.  of  which  averaged  19  ft.  in  depth,  threatened  to  dis- 
place the  dragline  for  other  equipment.  The  material  "from  this 
cut  could  not  be  placed  in  embankment  economically  and  so  was 
wasted.  ^ 
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The  dragline  in  making  the  cut  rode  the  center  line,  swinging 
the  material  into  spoil  banks  on  both  sides.  Only  one  move 
through  the  cut  was  required. 

The  dragline  worked  to  a  0.57%  grade,  and  on  a  40-ft.  curve 
the  entire  distance  and  handled  approximately  40,000  yd.  of 
heavy,  yellow  clay  and  blue  gumbo  during  the  six  weeks  re- 
quired to  complete  the  work.  The  slopes  were  cut  from  a  20-ft. 
base  one  to  one  and  reqiiired  no  hand  dressing.'  Some  sliding  due 
to  frost  action  has  occurred,  but  the  work  compares  favorably 
with  similar  work  done  by  steam  shovel. 

The  south  approach  is  a  fill  2,300  ft.  long,  with  a  maximum 
height  of  28  ft.  built  on  a  temporary  grade  of  0.7%.  About 
48,000  cu.  yd.  of  material  was  borrowed  from  pits  on  either  side, 
having  widths  of  from  30  to  80  ft.  and  a  maximum  depth  of 
14  ft.  Two  moves  through  each  pit  were  made,  except  for  a 
short  distaiice  at  the  small  end  of  the  fill.  On  the  first  move, 
near  the  outside  of  the  pit,  the  machine  took  out  the  material 
and  placed  it  about  halfway  to  the  center  line.  On  the  second 
move  this  material  was  recast  into  the  fill  and  the  remainder  of 
the  pit  made.  At  the  high  end  of  the  fill  during  the  second  trip 
the  machine  climbed  the  side  of ■  the  fill- in  order  to  cast  to  the 
top. 

From  10  to  20%  was  allowed  for  settlement,  as  a  great  part 
of  the  material  handled  was  from  low-lying  ground  saturated 
from  spring  rains.  An  early  and  thorough  settlement  of  the 
fill  occurred,  and  only  ordinary  maintenance  attention  has  been 
required  since.  The  land  purchased  for  the  borrow  pits  cost 
$250.  The  expense  of  temporary  trestles  was  saved ;  and  al- 
though some  of  the  dirt  was  handled  twice,  the  dragline  did 
away  with  the  usual  transportation  equipment  and  force. 

Building  Railway  Emhankment  with  Hydraulic  Dredges. 
Engineering  and  Contracting,  in  the  issue  of  Feb.  9,  1916,  gives 
the  following: 

The  method  described  is  employed  by  the  Chicago,  Burlington 
&  Quindy  E.  E.  for  building  embankment  across  sloughs  on  line 
rectification  along  the  bank  of  the  Mississippi.  River.  Referring 
to  Fig.  13,  where  the  fill  first  appears  above  water,  shields  10  ft. 
long  and  2  f ti.  high  are  placed  on  each  side  as  indicated  for  one 
side  only  at  a.  The  sand  is  allowed  to  deposit  until  it  is  filled  in 
as  at  b.  Sand  from  inside  the  shield  line  is  then  shoveled  over 
against  the  backs  of  the  shields  on  'the  desired  2  to  1  slope,  and 
the  shields  are  jacked  up'  as  in  c.  When  the  fill  again  nearly 
covers  the  shields,  the  operation  is  repeated;  and  again  a  third 
time  when  the  fill  is  about  3  ft.  deep  as  in  d.  The  whole  shield 
line  is  then  moved  in  about  6  ft.,  and  similar  operations  follow 
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until  the  completed  embankment  has  reached  grade  with  a  top 
width  of  34  ft.  for  double  track.  One  foot  ia  the  usual  allow- 
ance for  shrinkage,  although  in  some  cases  more  has  been  deemed 
necessary.  E.  R.  Stevens  states  that  this  dredge  embankment  is 
35"  to  50%  cheaper  than  steam  shovel  work. 

An  earlier  accouht  of  this  work  published  in  Engineering  and 
Contracting  says: 

dn'  shore,  about  12  to  20  men  are  required  to  handle  the  dis- 
charge pipe  and  the  shields  or  guides.  The  shields  are  pieces 
of  sheet  iron  18  in.  wide  and  16  ft.  long  which  are  placed  on 
edge  in  the  sand  at  different  locations  so  that  the 'discharge  will 
be  held  in  little  ponds  itotil  the  material  has  settled.  The 
handling  of  these  requires  considerable  experience  in  order  to 
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Cross  Section  of  Embankment 
Fig.  13.     Building  Embankments  with  Hydraulic  Dredge. 

get  the  best  results.  The  rate  of  output  depends  considerably 
upon  the  control  ot  the  discharge,  so  that  the  materiar  will  set- 
tle properly.  The  handling  of  the  pipes  must  be  done  quickly 
so  that  the  pumping  can  be  as  nearly  continuous  as  possible. " 

The  output  of  the  dredge  varies  from  3,500  to  4,500  cu.  yd. 
per  day  of  24  hr.  The  conditions  for  dredging  are  ideal,  the 
heavy  sand, pumps  easily  and  settles  readily, and  no  unusual  dif- 
ficulties have  held  up  the  work  so  that  its  cost  has  been  very 
low.     The  embankment  had  to  be  leveled  by  teams  before  laying 

tracks. 

Building  Approach  Embankments,  Columbia  River  Bridge. 
The  following  abstract  of  an  article  by  E.  E.  Howard  in  Engi- 
neering News,  Jan.  27,  1916,  is  given  as  it  offers  an  excellient 
illustration  of  the  sheerboard  method  of  retaining  hydraulic  fills. 
About  2  miles  fill  were  built,  averaging  20  ft.  in  height.    See  Fig. 

14. 

The  contract  was  let  to  the  Tacbma  Dredging  Co.,  of  Tacoma, 
Wash.,  at  its  bid  of  13.24  ct.  per  cu.  yd.  of  the  net  volume  in 
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place.  This  company  moved  its  dredge  to  the  site,  installed 
pipes  and  pumped  in  the  flcrst  sand  on  June  9.  By  Nov.  20^11 
of  the  embankment  south  of  Oregon  Slough  had  been  placed  — 
a  total  net  volume  of  821,000  cu.  yd.  The  placing  of  this  ma- 
terial occupied  160  days,  or  an  average  of  about  5,000  cu.  yd.  a 
day..  The  inaterial  remaining  in  the, embankment  is  a  medium- 
fine  sand,  sharp  and  clean. 

Method  of  Making  Excavation.  The  material  was  excavated 
from  the  Oregon  Slough  by.  means  of  a  suction  dredge  of  usual 
type,  with  a  cutting  head,  and  was  transported  to  place  by  being 
pumped  through  a  line  of  pipe  24  in.  in  diameter.  The  opera- 
tion was  by  electric  power  from,  the  high- voltage  lines  of  the 
Portland  Railway  Light  and  Power  Cq.  .,The  main  pump  on  the 
dredge  was  operated  by   two   500-hp.  motors   connected   to  the 


Fig;   14.     Bulkheads  for  Retaining  Hydraulic  Fill  for  Embank- 
ment Approach  to  Columbia  River  Bridge. 

pump  by  rope  drives.  The  puinp  was  of  capacity  to  give  a  dis- 
charge through  the  24-in.  pipe  at  a  velocity  of  12  to  15  ft.  per 
see.  Operation  continued  24  hr.  per  day  during  the  time  speci- 
fied, and  the  dredge  was  actually  running  about  14  hr.  per  day. 
For  periods  of  a  few  hours  at  a  time  the  dredge  pumped  as  much 
as  1,000  cu.  yd.  per  hr.  There  was  of  course  a. very  considerable 
runoff  of  sand  from  the  embankment,  as  well  as  a  certain  amount 
of  fine  material  which  flowed  away  with  the  waste  water,  and  it 
is  estimated  that  about  250,000  cu.  yd.  more  than  the  above  net 
apiount  was  transported.  The  discharge-pipe  line  was  extended 
to  a  length  of  about  4,000  ft.,  working  from  the  dredge  alone. 
For  the  greater  distances  a  booster  pump  was  installed  in  the 
line  to  give  additional  impetus.  This  pump  was  operated  by  a 
single  1,000-hp.  motor  operating  with  considerable  overload. 
,  The  dredge  and  booster,  pump  together  transported  through  a 
maiximum  length  of  9,000  ft,  of  pipe.  Such  long-distance  dredg- 
ing into  an  embankment  so  comparatively  narrow  and  high  is 
believed  to  mark  a  record  for  work  of  this  character.  The  pipe 
was  of  the   ordinary  riveted  variety   with   slip   joints   made  of 
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7-gage  material  on  the  pontoons  and  of  10-gage  material  else- 
where.    It  was  moved  about  by  teams  and  wagons. 

Timber  Bulkheads  for  Earth  Backing.  The  embankment  was 
built  up  in  steps  by  the  use  of  timber  bulkheads  (Fig.  14)'.' 
These  were  built  of  6  x  8-in.  posts,  about  10-ft.  centers,  supporting 
2  X  12-in.  sheathing,  surfaced  both  edges.  The  sides  of  the  em- 
bankment were  built  up  by  these  means  in  steps  8  ft.  wide  and 
4  ft.  high.  The  first  bulkheads  were  placed  upon  the  natural 
ground  surface  by  driving  in  the  6  x  8-in.  posts  with  a  hand 
maul  and  setting  the '  lower  plank  into  a  small  trench  so  that  the 
bulkhead  sheathing'  extended  perliaps  8  to  12  in.  below  the  or- 
dinary groimd  surface.  When  the  sand  had  been  filled  in  about 
the  top  of  such  first  bulkheads,  posts  for  succeeding  bulkheads 
were  set  in  place  and  the  lower  plank  placed  so  that  it  extended 
about  12  in.  below  the  top  of  the  first  bulkhead  below.  These 
posts  were  tied  back  into  the  embankment  by  2  x  6-in.  ties  spiked 
on  near  the  top  of  each  post  and  extending  back  to  a  short 
post,  in  front  of  which  were  placed  a  few  pieces  of  lagging  to 
offer  additional  resistance.  The  pipe  was  laid  to  discharge  into 
the  middle  of  the  embankment  so  marked  and  was  carried  for- 
ward from  the  river,  bringing  the  embankment  up  to  the  final 
grade  and  working  away  from  the  dredge.  A  framework  of  baf- 
fle-boards was  placed  under  the  discharging  end  of  the  pipe, 
causing  the  water  to  spread  out  and  spill  over  the  ground  be- 
low and  run  forward,  distributing  the  different  sizes  of  material 
as  the  velocity  decreased.  At  some  convenient  low  point  there 
was  provided  an  outflow  down  the  side  of  the  embankment,  for 
which  the  steps  of  the  embankment  were  paved  with  plank  to  pre- 
vent wash. 

After  sections  of  the  finished  embankments  became  thoroughly 
drained  as  the  work  proceeded,  the  posts  of  the  bulkheads  were 
cut  away  and  the  planks  removed  and  carried  forward  for  re- 
peated use.  Parts  of  the  posts  and  of  the  2  x  6-in.  ties  there- 
fore remain  in  the  embankment.  The  finishing  of  the  slopes  was 
done  by  hand  with  shovels,  and  the  successive  steps  were  so  lo- 
cated that  the  upper  corner  of  each  step  filled  4nto  the  lower 
corner  of  the  step  below,  to  provide  the  proper  slope.  The  ac- 
tual pumping  and  transportation  of  the  sand  in  the  hands  of 
these  contractors  were  the  simplest  parts  of  the  work,  and  they 
found  it  economical  to  permit  a  very  considerable  wastage  of 
material  where  a  reasonable  amount  of  such  wastage  saved  in 
the  construction  of  bulkheads. 

Filling  Trestles  by  Sluicing.  Data  on  this  will  be  found  in 
Chapter  XVIII.  This  is  so  cheap  and  satisfactory  a  method  of 
J)uilding  emb0,n}?;flient3  that  its  possibilities  should  be  thoroughly 
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investigated  ,  before  any  other  means  of  moving  earth  are  con- 
sidered. / 

Additional  information  on  filling  land  with  material  pumped 
\)j  dredges  will  be  found  in  Chapters  XV,  XX,  and  XXIi 

Supporting  Construction  Track  on  Ice.  According  to  Engi- 
neering News,  Feb.  26,  1903,  embankments  over  a  slough,  500  ft. 
vcide,  on  the  Illinois  and  Mississippi  Canal,  were  built  during  the 
year  1903  by  carrying  the  construction  track  on  ice.  The  slough 
consisted  of  very  soft  mud,  overlain  by  2.5  ft.  of  water.  The 
embankment  was  100  ft.  wide  on  top  and  14  ft.  above  the  water. 
As  ice  covered  the  slough  no  trestle  was  constructed,  but  the 
railway  track  was  laid  directly  on  the  ice.  Short  trains  of  ears 
were  brought  down  and  dumped  three  at  a  time,  one  on  each 
side,  until  a  :bank  was  formed.  The  train  was  composed  of  18 
cars  as  a  rule,  but  only  6  loaded  cars  were  put  on  the  ice  at  any 
one,  time.~  The  ice  settled  under  the  weight  of  the  fill,  but  the 
jsmbankment  was  raised  as  fast  as  the  ice  settled. 

At  Stillwater,  New  -York,  the  construction  plant  on  part  of 
Contract  No.  68  of  the  New  York  State  Barge  Canal  was  con- 
veyed across  the  Hudson  River,  a  distance  of  1,000  ft.,  by  build- 
ing a  track  on  top  of  the  ice.  A  full  description  of  this  cross- 
ing is  contained  in  Engineering  and  Contracting,  June  9,  1909i 

The  nearest  railway  station  to  the  site  of  this  plant  was  6 
miles  away,  and  to  avoid  the  necessity  of  hauling  the  plant  over- 
land for  that  distance)  the  contractor  conceived  the  idea  of  de^ 
livering  it  by  trolley  on  the  west  bank,  and  carrying  it  across 
the  icCi  The  heaviest  single  piece  was  a  70-ton  steam  shovel, 
which  could  be  stripped  to  about  45  tons  by,  the  removal  of  the 
boom  and  dipper.  There  were  also'  three  locomotives  each  weigh- 
ing 18  tons,  stripped  to  15  tons.  In  addition  there  were  hoist- 
ing engines,  dump  cars,  drills,  etc.,  some  pieces  weighing  as  much 
as  12  tons.  On  Jan.  12  when  the  machinery  was  delivered  at 
the^river  bank,  the  ice;  was  only  9  in.  thick.  It  was  increased  to 
a  thickness  of  10  to  14  in.  by  cutting  holes  in  the  ice  and  pump- 
ing water  upon  it. 

For  spreading  the  weight  over  a  wide  area,  8  x  16-in.  yellow 
pine  timbers,  24  ft.  long,  were  placed  beneath  the  narrow-gag& 
railway  spaced;  15  ft.  apart.  In  each  space  were  placed  two 
8-in.  x8-ft.  ties;  thus  making  the  supports  5  ft.  apart.  At  the 
west  bank,  where  there  was  an  abrupt  descent,  the  ties  and  long 
tiinbers  were  spaced  much  closer.  The  supply  of  24-ft.  timber 
was  not  sufficient  to  cover  the  whole  distance  and  near  the  west 
bank  there  was  a  stretch  of  150  ft.  over  which  the  track  was 
supported  by  ties  alone,  spaced  2.5  ft.  apart. 

A  hoisting  engine  was  first  hauled  across  and  placed  on  the 
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opposite  ba^k.  A  cable,  l.opo  ft.  le^ng,  stretching  from  this  en- 
gine to  the  opposite  bank  was  used  to  pull  over  the  loads.  By 
tttking  several  turns  with  this  cable  around  a  spool  on  the  drum 
shaft,  i;he  various  machines  could  be  transported  while  the  men 
were  on  shore,  and  it  was  not,  necessary  to  risk  the  life  of  some 
one  upon  the  ice  when  the  heavy  loads  were  being  carried. 
Moreover,  when  once  started,  the  loads  could  be  quickly  hauled 
across.  It  took  about  4  min.  to  haul  over  a  single  locomotive. 
Under  the  weight  of  a  locomotive  the  ice  sank  down  from  6  to  7 
in.  and  formed  in  wave-like  imdulations,  and  there  was  also  a 
shattering  and  cracking.. 

It  was  determined  that  a  load  of  15  tons  appeared  to  be  the 
maximum  for  ice  10  in.  thick.  The  steam  shovel  was  therefore 
taken  over  the  highway  for  a  distance  of  6  miles,  involving  a 
week's  labor.  Fortunately,  there  was  almost  no  snow  on  the 
ground  and  a  thin  layer  of  ice  covered  the  surface.  It  was  thus 
possible  easily  to  haul  the  rails  and  to  lay  the  track,  without 
ties,  a  few  flat  iron  rods  holding  the  rails  in  position.  The 
shovel  was  moved  for  about  $100  per  mile. 

A  Scow  Bridge  Instead  of  a  Trestle.  A  scow  bridge  was  used 
in  the  construction  of  the  Falcon  River  Dike,  Winnipeg  Dis- 
trict. This  device  was  illustrated  in  Engineering  News,  Feb. 
4,  1915.  It  is  claimed  that  the  successful  bidders  saved  over 
$25,000  by  using  the  scow  method  as  compared  to  the  cost  of 
using  trestles.  The  contractors  used  two  scows  in  tandem.  The 
track  on  the  boats  consisted  of  90-lb.  rails  on  a  frame-work 
whose  sills  rested  on,  but  were  not  fastened  to,  the  deck.  To 
move  forwardj  the  .scows  were  outhauled  under  the  rail-support- 
ing frames  Ijy  a  cable  passing  forward  over  a ,  snatchblock  at  the 
outer  end  of  the  rail  and  back  to  the  dinkeyw  Then  the  in-shore 
ends  of  the  90-lb.  rails  were  moved  to  the  outer  end  of  the  scows 
in  the  new  position,  and  the  gap  filled  in  with  regular  60-lb. 
rail  as  used  in  the  rest  of  the  supply  track  on  the  finished  fill. 
The  dike,  8,000,  ft.  long,  containing  about  230,000  cu.  yd.  of 
gravel,  progressed  rapidly,  being  practically  completed  in  four 
months.  The  greatest  depth  of  water  was  about  25  ft..  Ma- 
terial was  obtained  from  a  gravel,  pit  adjacent  to  the  north  .end 
of  the  dike.       '  ,         ,    .  , 

Engineering  News,  Apr.  1,  1915,  gives  the  following  relative 
to  a  dumping  platform  for  disposing  of  material  on  the  break- 
water and  part  of  the  harbor  work  at  Halifax,  N.  S.  This  plat- 
form. Fig.  15,  consisted  of  a  scow  held  by  water  ballast  to 
constant  level  in  spite  of  the  tide.  A  plate-girder  bridge,  40-ft. 
long  was  mounted  at  its  forward  end  on  a  barg.e  40x8  ft.  in 
size,  and  at  its  rear  end  on  four  or  five  cross-ties  laid  on  the 
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outer  corner  of  the  embankment.  The  spoi!  was  brought  in  16-yd. 
dump  cars  and  dumped  directly  frbm  this  bridge.  Three  or  four 
cars  at  the  head  of  a  train  were  run  on  the  bridge,  dumped  and 
returned.  The  track  was  continued  across  the  scpw_  as  a  tail 
track.  When  -the  embankment  had  'been  built  up  high  ■  enough 
(4  ft.  above  mean  water]  in  the  space  spanned  by  the  bridge, 
the  scow  and  bridge  were  simply  hauled  forward  until  the  bridge 


40'- 


Fig'.-lS.     A  Scow  Bridge. 


came  to  a  new  bearing  on  a  new  outer  point  on  the  embankment, 
and  the  process  was  continued.  The  tidal  rise  was  about  6  ft; 
To  keep  the  bridge  level,  water  ballast  tanks  were  provided  in 
the  scow.  These  were  pumped  full  as  the  tide  rose,  and  pumped 
out  on  the  fall  o;f  the  tide,  keeping  the  dumping  bridge  level  withT 
the  embankment. 

Placing  a  Bailroad  Fill  from  a  Pontoon  Bridge.  Engineering 
Record,  Jan.  31,  1914,  gives  the  following: 

In  the  double-tracking  and  grade-revision  program  being  car-  • 
ried  out  by  the  Chicago,  Milwaukee  &  St.  Paul  Railway  in  South 
Dak.  a  fill  v/as  built  across  a  lake  about  1,200  ft.  wide,  averag- 
ing from  30  to  40  ft.  deep.  The  bed  of  the  lake  is  a  soft  and 
seemingly  bottomless  muck,  test  piles  driven  to  a  depth  of  120 
ft.  indicating  no  firmer  material. 

The  contractor,  the  Cook  Construction  Company,  of  St.  Paul, 
intending  to  make  the  fill  from  side-dump  cars,  built  a  trestle 
across  the  lake,  using  90-ft.  piles.  When  filling  was  begun  the 
weight  of  material  forced  the  trestle  out  of  line,  and  in  fact  tore 
it  to  pieces  in  two  or  three  places.  New  piles  were  driven  with 
tlie  same  result,  and  this  happened  five  or  six  times. 

Two  scows  were  then  built,  and  60-ft.  timbers  were  provided 
for  stringers  to  carry  the  construction  track.  The  scows  were 
so  placed  that  one  set  of  timbers  spanned  from  the  bank  to  the 
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first  scow  and  g,nother  set  reached  from  scow  to  scow.  The  fill- 
ing was  dumped  at  the  head  of  the  bank,  the  empty  cars  being 
pushed  ahead  on  the  outer  span.  When  the  new  embankment 
reached  the  scow  the  inner  span  and  that  scow  were  moved 
ahead.  The  scheme  has  worked  very  successfully. 
_  Constructing  a  Fill  with  a  Floating  Trestle.  A  novel  method 
of  constructing  a  fill  across  Patterson  Lake  on  the  Northern 
Pacific  Ry.  between  Tacoma  and  Tenino,  Wash.,  is  described  in 
Engineering  News,  Mar.  25,  1915.  The  width  of  the  lake  meas- 
ured along  the  center  line  was  1,350  ft.  Originally  it  was  in- 
tended by  the  contractors  to  make  the  fill  across  by  dumping 
from  a  trestle,  using  three-pile  bents  with  piles  approximately 
80  ft.  long.  Near  the  center  of  the  lake  they  drove  four  test 
piles,  115  ft.  long,  and  at  this  point  it  was  necessary  to  cap  the 
piles  above  the  water  and  place  frame  bents  on  them  in  order 
to  get  the  necessary  elevation  for  dumping.  For  this  construc- 
tion four-pile  bents  and  four-post -bents  were  used. 

The  soft  mud  of  the  lake  bottom  heaved  as  the  fill  was  de- 
posited, throwing  the  fill  out  of  line  and  lifting  the  piles  bodily 
so  that  the  trestle  collapsed,' and  the  mud  rose  above  the  surface 
of  the  water  for  a  considerable  area.  The  trestle  was  then  held 
in  place  on  log  floats  and  these  were  later  replaced  by  pontoons 
carrying  a  trestle  of  framed  bents,  as  shown  in  Fig.  16.  Slop- 
ing aprons  extending  from  the  trestle  to  the  sides  of  the  pontoon 
to  deliver' the  material  to  the  sides.  This  floating  trestle  was 
kept  ahead  of  the  end  of  the  fill,  being  connected  to  it  by  a  60-ft. 
span  of  trussed  timber  stringers.  ''-, 

One  steam  shovel,  loading  into  12-yd.  standard-gage  air  dump 
cars,  started  filling  at  one  end  on  Feb.  25,  1913.  On  June  11 
another  shovel  with  4-yd.  narrow-gage  dump  cars  replaced  this 
machine,  and  the  former  shovel  was  moved  to  the  other  end.  The- 
material  was  mainly  gravel  and  sand.  For  a  single-track  fill 
761,000  cu.  yd.  were  required.  Afterwards,  72,000  cu.  yd.  were 
added  to  widen  this  road  to  double-track.  This  additional  work 
was  completed  June  25,  1914. 

Cost  of  Widening  Embankments.  Engineering  News,  Oct.  27, 
1904,  gives  an  abstract  of  a  committee  report  presented  at  the  an- 
nual meeting  of  the  Roadmasters  and  Maintenance  of  Way  As- 
sociation, 1904,  from  which  the  diagrams  here  given  are  taken. 
The  assumption  is  that  material  for  embankment  is  to  be  ob- 
tained by  ditching  and  widening  cuts.  The  diagram,  Fig.  17, 
can  be  used  to  study  the  relative  costs  of  different  methods  of 
doing  this  work.  The  second.  Fig.  18,  can  be  used  to  advantage 
only  in  determining  whether  it  is  cheaper  to  make  a  long  haul 
from  the  point  where  ditching  is  being  done,  than  to  waste  the 
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material   obtained   from   ditching   and   obtain   the   material   for 
■widening  banks  from  a  more  convenient  location. 

By  examining  the  diagram  in  Pig.  17  it  will  be  seen  that  the 
cheapest  method  of  ditching  where  the  material  is  to  be  used 
in  widening  embankments,  and  where  such  work  is  not  done  by 
simply  easting  across  one  track,  is  by  a  machine  ditcher,  pro- 
vided the  machine  is  so  designed  that  it  can  load  and  dump  5 
cu.  yd.  in  not  to  exceed  2^  min.,  exclusive  of  running  time,  and 
can  be  operated  by  three  men  besides  the  train  crew,  and  if  the 


Fig.  17.    Diagram  of  Costs  of  Railway  Ditching  by  Various 
Methods,  Haul  up  to  7,500  Ft. 


conditions  are  such  that  such  a  machine  can  be  used  up  to  a 
laul  of  some  1,200  or  1,300  ft.  in  very  fair  digging,  or  up  to 
some  1,900  ft.  in  bad,  wet  digging.  From  this  point  on,  a 
properly  designed  machine  ditcher,  so  arranged  that  it  can  load 
a  full  train  of  material,  used  in  conjunction  with  a  plow  and 
cable  or  other  method  for  quick  unloading,  can  be  worked  most 
economically.  In  both  these  cases  of  machine  ditchers,  it  is  as- 
.sumed  that  the  machines  will  be  used  enough  each  year  to  bring 
the  cost  for  interest  and  depreciation  down  to  the  estimate  given 
in  the  ajppendix,  the  numtei:  of  yards  handled  having  to  be 
greater  than  estimated  in  case  a  more  expensive  machine  is  used 
than  estimated  on. 
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In'  Case  a  machine ,  ditcher  is  not  available,  a  study  of,  the- 
diagram  will  show  the  relative  cost  per  yard,  by  various  methods, 
provided  the  traffic  is  such  that  the  actual  working  time  of  work 
train  is  only  about  6  hr.  put  of  10  hr.  the  men  are  assumed  to 
work-each  day.  .: 

Team,  Work.  On  light,  work  banks  can  be  widened  very  eco- 
nomically with  teams  and  scrapers.  This  method  can  also  he 
used  to  widen  the  base  of  heavy  embankments,  the  filling  being 
afterwards  eomplftted  by  work  train  or  other  means.  The  filling 
being  compacted  by  the  movements  of  the  teams  over  it  is  less 
liable  to  settlement  and  unites  closer  to  the  old  bank  than  by 
other  methods.  Work- of  this  kind. -is.  usually  let  by  contract,  the 
price  being  from  14  to  25  ct.  per  cu.  yd. 


4      5      6      7      8      9      Knr 
Miles        of        Haul 

Fig.   18.     Diagram  of  Cost,  of  Railway  Ditching  by  Various 
Methods.     Hauls' up  to.lS.  Miles. 


Casting.  The  cost  of  ditching  by  easting  may  in  fain  digging 
be  taken  at  10  ct.  per  cu.  yd.,  where  one  cast  will  place  the  ma- 
terial in  a  suitable  final  location.  If  necessary  to  use  one  plat- 
form, by  jvhich  the  material  can  be  raised  6  ft,. ,  with  the  first  and 
4  ft.  with  the  last  handling,  in  order  to  place  it  far  enough  from 
the  edge  of  the  put,  the  cost  for  such  material  will  be  increased 
about  6  ct.  per  yd.,  or  to^  total  of  16  ct,  per  cu.  yd.    A  descrip- 

ftion  of  a  simple  portable  platform  is  given  under  the  heading 
"  Work  Train  and  Hand  Loading."  In  both  of  these  cases  the 
material  cannot  ordinarily  be  used  to  advantage  in  widening 
embankments. 

Wheelbarrows.  By,  this  method  the  material  excavated  may 
be  used  to  widen  embankments,  if  eonditions  are  favorable,  and 

.the  cost  is  practically  a  cpnstant  tci  which  a  uniform  addition 
is  made  varying  directly  with  the  length  of  haul.     For  fair  dig- 
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ging  it  will  be  noted  that  casting  is  cheaper  than  any  wheel- 
barrow work,  and  that  casting  with  one  platform  is  „about  the 
same  cost  as  wheeling  125  ft.  with  wheelbarrows.  If  the  ma- 
terial is  merely  to  be  carried  across  three  or  more  tracks,  where 
the  traffic  is  "so  heavy  that  it  is  not  desirable  to  lay  gangways 
across  the  tracks,  on  account  of  safety,  very  fair  results  can  be 
obtained  by  constructing  boxes  with  two  handles,  similar  to  the 
handles  on  push  or  hand  cars,  on  each  end,  and  have  two  men 
carry  each  box  across.  This  method,  however,  is  more  expensive 
than  wheeling. 

Push  Cars.  As  it  is  necessary  to  protect  push  car  work  by 
flagmen,  the  greatest  economy  by  this  method  will  be  obtained 
by  working  as  many  men  with  two  flagmen  as  can  be  worked  to 
advantage.  This  is  indicated  by  the  three  dotted  lines  showing 
4,  10  and  16  men  actually  ditching  under  the  protection' of  two 
flagmen.  It  is  here  assumed  that  20%  of  the  time  is  lost  on 
account  of  the  traffic,  but  that  this  20%  covers  the  time  spent  in 
trimming  up  the  cut.  On  the  diagram,  the  three  dotted  lines  in- 
dicate cost  per  yard  if  the  men  shovel  the  material  oS  the  car; 
while  the  three  full  lines  indicate  the  cost  if  the  car  is  so  ar- 
ranged that  the  material  can  be  dumped,  by  placing  an  entirely 
aepsirate  box,  open  at  one  side,  on  the  bed  of  the  car,  or  some 
other  suitable  method.  By  such  an  arrangement,  the  cost  per 
yard  can  be  reduced  some  3  to  41^  ct.  over  shoveling  the  material 
off  the  cars. 

Work  Trains  and  Hand  Loading.  The  diagram  is  plainly 
marked  showing  the  method  covered  by  each  line,  and  it  is  only 
^  nefcessary  ■  to  call  attention  to  the  fact  that  where  only  60  cu. 
yd.  are  handled  per  trip,  the  lines  are  dotted  lines,  and  full  lines 
are  used  where  120  cu.  yd.  are  handled  per  trip.  In  all  cases  with 
work  train  (except  one)  it  is  assumed  that  all  the  men  em- 
ployed go  with  the  train  to  unload,  and  for  this  reason  the  cost 
with  50  men,  handling  120  yd.  per  train,  becomes  less  than  with 
100  men  under  the  same  conditions,  after  a  haul  of  about  2,600 
ft.,  or  1^  mile  has  been  reached.  If,  however,  the  work  is  prop- 
erly handled  the  whole  number  of  men  employed  (where  such 
large  numbers  are  used)  are  not  sent  with  the  train,  but  are  kept 
at  work  at  the  ends  of  the  cut  ditching  with  wheelbarrows,  or 
possibly  casting  the  material,  where  such  can  be  done  by  the  use 
of  a  platform,  while  part  of  the  men  unload.  The  cost  will  thus 
be  reduced  considerably,  it  being  possible,  by  proper  arrange- 
ments, to  reduce  the  cost  to  almost  what  machine  ditchers  will 
accomplish. 

A  portable  platform  for  carrying  on  the  work  trains  for  use 
in  cases  where  material  can  be  thrown  out  of  the  cuts  by  two 
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castings,  consists  of  two  posts  2x6  in.,  12  ft.  long,  with  two 
horizontal  pieces  2x6  in.,  lOi  ft.  long,  running  into  the  bank  to 
support  tlie  platform  of  five  boards  1  x  12  in.,  5  ft.  long.  The 
posts  and  horizontal  supports  are  boxed  at  intervals  to  permit 
adjustment  of  the  height  of  platform.  In  a  deep  cut,  a,  second 
'scaffold  may  be  placed  above  the  first.  This  device  was  first 
furnished  section  foremen  on  the  Southern  Railway  by;  Mr.  W. 
A.  Ford,  Supervisor,  but  was  found  to  be  of  such  value  as  a  time 
saver  when'  trains  were  late,  that  ditching  trains  were  equipped 
with  them.  One  man  on  the  scaffold  can  handle  about  as  much 
dirt  as  two  men  can  handle  in  the  ditch. 

On  this  diagram  the  question  of  using  two  or  more  work  trains 
with  a  gang  of  ,say  100  men  loading,  the  unloa,ding  being  done  at 
a  distant  point  by  plow  and  cable,  has  not  been  considered,  as 
work  of  such  character  would  vary  to  such  an  extent  with  the 
local  conditions,  that  it  would  necessarily  have  to  be  considered 
specially  for  each  individual  case.  It  may  be  mentioned,  how- 
ever, that  100  men  could  load  1,000  cu.  yd.  of  material  already 
loosened  and  placed  conveniently  for  loading,  in  four  hours'  actual 
working  time  and  at  that  rate  the  total  cost  for  one  train 
amounting  to  say  $22  per  day,  would  be  but' 2.2  ct.  per  cu.  yd. 
In  order,  therefore,  to  keep  such  a  gang  busy,  a  sufficient  num- 
ber of  trains  should  be  used,  if  conditions,  such  as  traflBc,  side 
track  facilities,  ete'.,  will  permit.  The  whole  question  with  work 
trains,  therefore,  resolves  itself  into  equalizing  the  number  and 
disposition  of  men  employed,  with'  the  train  service  in  such  a 
way  that  one  will  not  overbalance  the  other,  and  both  will  be  in 
accordance  with  the  requirements  in  regard  to  length  of  haul, 
traffic  conditions,  etc. 

Machine  Ditchers.  These  may  be  divided  into  two  general 
classes :  ( 1 )  Ditchers  which  load  a  scoop  on  one  or  both  sides 
and  then  run  to  the  end  of  the,  cjit  to  dump  the  material,  and 
(2)  those  which  load  a  full  train  of  material  and  unload  by 
plow  or  by  hand.  ■  The  first  kind  can  be  used  to  advantage  only 
where  the  haul  is  comparatively  short,  while  the  second  class  is 
economical  for  a  long  haul. 

The  requirements  of  a  suitable  machine  ditcher  of  either  class 
are  that  it  shall  be  able  to  cut  the  full  depth  necessary,  and  close 
up  to  the  ends  of  the  ties  in  order  to  obtain  a  standard  section; 
that  it  shall  be  quickly  handled  with  the  least  number  of  men 
practicable;  that  it  shall  have  the  fewest  possible  parts  likely 
to  get  out  of  order,  and  that  it  shall  be  capable  of  sloping,  the 
banks  in  fair  shape  either  by  a  slope  board  or  dipper  under  con: 
trol  of  the  engineman,  the  slope  board  probably  being  desirable 
pven  with  the  dipper.     With  either  class  of  machine,  the  dipper 
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or  scoop  should  be  as  larg^  as  can  be  handled  to  advantage  in 
order  to  reduce  the  cost  per  yard,  machines  of  first  cla.8s  having 
tery  long  scoops,  while  those, of  the  second  class  liave  dippers 
somewhat  similar  to  a  steani  shovel  dipper  of  about  %  to  1  cu. 
yd.  capacity.  As  in  the  case  of  steam  shovel  work,  the  engine- 
man  or  the  man  .in  charge  of  handliilg  the  scoop  or  dipper, 
should  be  thoroughly  competent,  as  the  cost  per  yatd  of  ma- 
terial will  be  greatly  increased  if  the  shovel  work  is  handled 
slowly. 
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Fig.  19.  Diagram  of  Estimated  Time  for  Work  Train  to  Make 
Round  Trip  to  and  from  Place  of  Unloading;  Exclusive  of  Time 
Consumed  in  Unloading. 


Filling  and  Tamping  a  Viaduct  Embankment.  Engineermg 
News,  Nov.  5,  1914,  gives  the  following: 

The  New  York  Cbilnecting  R.  R.  is  carried  over  a  part  of 
Astoria,  L.  I.,  N.  Y.,  by  a  viaduct  constructed  of  earth  filled 
and  tamped  between  concrete  retaining  walls.  These  walls  are 
held  together  by  steel  tie'  rods.  These  rods  are  encased  in  con- 
crete as  rapidly  as  the  earth  fill  reaches  them,  which  delays  the 
work  of  filling  and  tamping  somewhat. 

The  filling  material  is  composed  of  sand,  gravel  and  loam,  ex- 
cavated at  Sunnyside  yards  by  a  2%-cu.  yd.  steam  shovel,  and 
hauled  3.5  miles  in  ll-car  trains  by  18-ton  dinkeys  to  the  via- 
duct    Cars  hold   3.8   yd.   each,   and   250   to   300   cars   or   about 
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1,045  cu.  yd.  are  handled  per  day.  The  dumping  track  is  carr 
ried  by  timber  trusses  resting  on  the  concrete  retaining  walls. 
The  steam  shovel  crew  is  composed  of  a  steam  shovel  runner,  a 
craneman,  fireman,  and  6  pitmen.  Each  of  the  5  trains  is  manned 
by  an  engineman  and  brakeman.  The  dumping  is  done  by  a  fore- 
man and  5  laborers.  ;  ,  ;        ' 

.  The  earth  after  being  dumped  is  spread  in  12-in,.  layers  and 
tamped  with  ^pneumatic  tampers.  These  tampers  are  manufac- 
tured by  the  Ingersoll-Eand  Co.  and  are  of  the  "  crown  "  model. 
Air  for  their  operation  is  supplied  by  a  compressor  rated  at  946 
cu.  ft.  of  free  air  per  min.,  IGO  lb.; per,  sq.  in.  pressurCj  driyen 
by  a  150-hp.  motor.  Air  is  distributed  through  3-in.  i  and  2-in. 
pipe  to  distances  of  lj400i  and  2,100  ft.  each  way  from  the  com- 
pressor. The  average  number  of  men  employed  in  spreading  and 
tamping  is  45  laborers,  2  foremen,  and  6  tampers.  Two  machin- 
ists are  einployed  for  ensuring  the  smooth  operation  of  the 
tampers,  20  of  which  are  on  hand.  With  this  crew  of  51  men 
abojit  20  cu.  yd.  per  man-day  are  spread  and  tamped. 

The  autlior  would  suggest  that  it  would '  have  been  cheaper 
to  spread  the  earth  with  a  dragline  scraper  and  puddle  it  with 
water. 

Cost  of  Trausportihg  Men,  Tools  and  Supplies  on  Railroads  for 
Grading.  Engineering  and  Contracting,  July  8,  1908,  gives  the 
following : 

In'  carrying  on  construction  work  it  is  the  custom  of  railroads 
to  charge  the  construction  certain  rates  of  fares  on  the  men  em- 
ployed, and  freight  on  tools  and  supplies.  This  charge  against 
the  new  work  is  credited  to  the  operating  department. 

The  following  figures  have  been  used  by  H.  P.  Gillette  in  esti- 
mating the  cost  of  railroad  construction.  The  figures  of  work 
done,  and  men,  horses  and ,  tools  and  supplies  needed  are  based 
on  large  jobs  of  construction,  and  are  safe  averages.  The  fares 
for'  men  and  the  freight  rates  are  those  ordinarily  charged  by 
railroads  to  theijiselves  and  to  one  another. 

One  horse  plus  1%  men  readily  excavate  and  move  15  cu.  yd.  of 
earth  per  day.  Hence  allow  360  cu.  yd.  per  month  per  horse  and 
250  cu.  yd.  per  month  per  man. 

One  man  requires  transportation  at  1  ct.  per  mile,  and  freight 
on  200  lb.  of  bedding,  cooking  utensils,  tents,  small  tools,  etc. 
Hence  for  100  miles  transportation  each  way,  or  200  miles  roimd 
trip,  we  have 

200  pasenger  miles  at  1  ct $2.00 

1/10  ton  bedding,  etc.,  200  miles  at  ^  ct.  per  ton  mile..        .10 

Tot^l $2.10 
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Since  one  man  will  excavate  250  cu.  yd.  per  month,  it  coats 
$2.10  divided  by  .230,  or  0.8  ct.  per  eu.  yd.,  if  the  job  lasts  only 
one  month;  but  if  the  job  lasts  four  months  it  costs  0.8  ct.  di- 
vided by  four,  or  0.2  ct.  per  cu.  yd.,  because  in  that  time  a  man 
will  move  four  times  250  cu.  yd.,  or  1,000  cu.  yd.,  and  will  only 
require  transportation  once  at  a  cost  of  $2.10.  Other  months 
are  in  proportion.  For  any  other  haul  than  100  miles  Multiply 
acqordingly.  ;  . 
Each  horse  requires  the  following  equipment: 

.         Lb.  '  ' 

I         %  wheel  scraper,  at  500  lb 250 

%  wagon,   at  2,000  lb ; . . .    1,000 

Tents,  harness,  eto ; ,  250 

Total '...:'..'.....:....; 1,500 

Allowing  16  horses  per  ca,r  of  ?4,000  lbs.,  each  horse  stands  for 

freight  equivalent  to  1,500  lb.,  h|eijce: 

,,,"''  Lb. 

Equipment  for  each  horse 1,500 

Weight  of  horse  ...i 1,500 

Total.  1%  tons  or  ..ili.k.    3,000 

For  each  100  mileis  of  haul  we  have,  therefore,  200  miles  round 
trip;  hence  200  miles, x  11^  tone  X  0,4  ct.=  $1.20. 

Since  each; horse  moves  360  cu.  yd.  per  month,  we  have  $1.20 
-^360,  or  0.3  ct.  per  cu.  yd,,  if  the  job  lasts  only  one  month. 
But  if  the  job  lasts  four  months  we  have  }4  oi  0.3  ct.,  or  0.075  ct. 
per  cu.  yd.  Other  lengths  of  time  and  other  hauls  are  in  pro- 
portion. 

Each  horse  consumes  ^  ton  of  food  per  month;  hence  if  food 
is  hauled  100  miles  we  have  ^^  ton  X  100  miles  X  0.4  ct.=  20  ct._ 

Since  the  horse  moves  360  cu.  yd.  peV  month,  we  have  20  ct.n- 
360,  or  0.05  ct.,  per  cu.  yd.  for  each  100  miles  of  haul. 

Summing  up,  we  have  the  following  costs: 

Cost  per  cu.  yd.  for  transportation 
100   miles    and   return. 

Duration                                 Men  Horses  Food  Total 

of  Work                                ,   Ct.    .   "       ,Ct.  ,  Ct.,             Ct. 

1  mo 0.80              0.30'  '    OjOS              1.15- 

4  mo.  .; 0.20      ,        0.08  0.05,,           0.33' 

6  mo 0.13,              0.05  0.05              0.23 

8  mo : 0,10'           0.04'  0:05              0.19 

12  mo 0.07              0.03'  0.05  a.l5 

Note. —  If  the  haul  is  300  miles,  miiltiply-'by  3.  If  the  haul 
is  500  miles,  multiply  by  5.  If  the  haul  is  1,000  miles,  mul- 
tiply by  10.      , 

The  above  is  for  work  done  by  wheel  .scrapers  and  wagons  and 
carts,  but  for  steam  shoyel  work  the  following  would  be  the  ap- 
proximate cost  for  transportation,:. 
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.  Tons.     , 

1   shovel    70 

60  dump  cars 120 

Rail     ,.. 65 

Cross  ties   (6.  in.  x6  iii.  x  6  ft.)   /. 75 

Three  small  loccmotiTes   , 35 

Pumps,  drills,  etc • 35 

Total     '. 400 

400  tons  X  100  miles  X  0.4  ct.  =  $160. 

Such  a  shovel  as  this  will  average  at  least  20,000  cu.  yd.  per 
month,  hence  we  have  $160  -f-  20,000,  or  0.8  ct.  per  cu.  yd.  for 
transporting  the  shovel  100  miles.  This  is  equivalent  to  1.6  ct. 
for  trajispbrting  the  shovel  the  round  trip  of  200  miles,  when  the 
job  lasts  only  one  month.  For  four  months  the  cost  would  be 
34  of  1.6  ct.,  or  0.4  ct.  per  cu.  yd.  Other  months  would  be  cor- 
respondingly in  proportion. 

Such  a  shovel  does  not  consume  more  than  60  tons  of  fuel  and 
supplies  per  month;  hence  we  have  60  tons  X  100  miles  X  0.4  ctr 
=  $24,  Since  with  this  60  tons  of  fuel  there  are  20,000  cu.  yd. 
excavated,  we  have  $24  -^  20,000,  or  0.12  ct.  per  cu.  yd.  With 
such  a  shovel  there  will  never  be  more  than  40  men  engaged  in 
operating  the  shovel,  operating  the  dump  cars  and  trains,  as  well 
as  in  making  temporary  roadways  and  repairing  equipment;  hence 
each  of  these  40  men  averages  500  cu.  'yd.  per  month,  which  is 
double  the  output  where  men  are  working  with  wheel  scrapers, 
carts,  etc.,  as  above  given;  therefore  the  cost  of  transporting' men 
per  cu.  yd.  on  shovel  work  is  approximately  one-half  the  amount 
given  in  the  previous  table. 

Summarizing  we  have  the  following: 

Cost  per  cu.  yd.  for  transportation 
100   miles   and   return. 

Duration                           '    Shovel,  Men  Fuel  Total 

of  Worlc                                  Ct.  Ot.  Ct.  Ct. 

1  mo 1.60  0.40  0.12.  2.12 

4  mo 0.40  0.10  0.12  0.6? 

6  mo 0.26  0.07  0.12  0.45 

12  mo. 0.13  0.03  0.12  0.28 

The  above  is  for  a  haul  of  100  miles,  and  for  any  other  hauls 
multiply  according  to  the  length  of  haul. 

If  the  workmen  are  of  a  restless  disposition,  and  remain  only 
a  short  time  on  the  job  before  quitting,  the  cost  of  their  transpor- 
tation varies  not  with  the  length  of  the  job  but  with  the  average 
time  they  remain  on  it.  When  they  quit,  of  course  their  return 
fare  is  not  paid.  , 

Cost  of  Railway  Grading  by  Steam  Shovel.  D.  A.  Wallace, 
in  Engineering  and  Contracting,  July  27,  1910,  gives  a  description 
of  the  methods  and  costs  of  steam  shovel  work,  loading  slag, 
earth  and  sand  into  cars  for  railway  ballasting  and  gradingi 


ROAD  AND  RAILROAD  EMBANKMENTS  1133 

Slag  for  Ballasting.  This  slag  was  loaded  by  a  45-ton  shovel 
working  against  a  20-ft.  face;  into  cars  placed  on  a  spur  track 
on  a  3%  grade.  The  grade  permitted  the  spotting  of  cars  by- 
hand  while  the  engine  was  unloading  the  loaded  cars.  The  great- 
est haul  was  4  miles..  There  was  no  delay  to  the  slag  train  due 
to  meeting  revenue  trains.  The  sjag  was  in  alternate  vitrified 
and  spongy  layers.  The  use  of  the  light  shovel  necessitated  some 
use  of  powder  but  not  more  than  the  ground  gang  could  drill  the 
necessary  holes  for  and  handle.  Holes  were  drilled  on  an  average 
9  ft.  horizontally  into  the  face  3  ft.  from  the  ground  line  and 
about  10  ft.  centers.  Rodgers  ballast  cars  were  used.  The  size  of 
the  slag  permitted  easy  unloading.  The  train  'crew  with  the  help 
of  one  of  the  gang  did  the  unloading  and  sweeping  oflp.  The  wages 
were  as  follows: 

Engineman,    per    month    $126.00 

Cranemaii,   per  montli   90.00 

Fireman,   per  month   60.00 

Foreman,  per  month  65.00 

Crround  hands,  per  day  .^. 1,25 

The  daily  expense  was  as  follows: 

Engineman $  4.80 

Oraneman     3.46 

Fireman     2.31 

Foreman      2.50 

6  ground  m^n 7.60 

2  tons  coal  at  $2 4.00 

"Waste  and  oil   0.60 

Dynamite    ■ '. 0.93 

Work  train 25.00 

Total  per  day 151.00 

The  slag  cost  $2  per  car  load  of  40  cu.  yd.  or  5  ct.  per  cu.  yd. 
Including  this,  the  cost  of  loading,  hauling  and  unloading  was  as 
follows  per  cubic  yard : 

6  cars,  240  cu.  yd.  „ $0,262           ., 

7  cars,  280  cu.  yd 0.232  ,.. 

8  cars,  320  cu.  yd 0.209  '  V 

9  cars,  360  cu.  yd 0.191  ■  >~ 

12  cars,  480  cu.  yd , 0.156 

Earth  for  Grade  Raising.  Loose  earth  was  loaded  into  Hart 
convertible  cars  spotted  on  the  main  line.  The  shovel  was  cut  in 
on  both  sides  of  the  rnain  line  and  cuts  were  widened.  A  12-ft. 
face  was  worked.  The  dirt  was  unloaded  by  the  railway  com- 
pany in  widening  fills  or  grade  raising,  as  was  most  convenient, 
depending  on  the  progress  of  the  gangs  and  the  time  of  revenue 
trains.  The  contractor  was  paid  7  ct.  per  cu.  yd.  pit  measure  for 
dirt  loaded  on  cars.  The  following  costs  were  fpr  loading  alone. 
The  shovel  used  was  a  70-ton  Giant  with  a  2-cu.  yd.  dipper.  The 
wages  paid  were  as  follows: 
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Engineman,   per  nionth   J150.00 

,    I     ;  Graneman,   per,  mozith    , 90,QO  , ,  • ,    , 

Foreman,  per  day  2.00 

Groundmen,  per  day   (6  worked)    1.50 

Watchman,   per   day p  1.85 

About  \%  gal.  of  cylinder  oil  at  40  ct.  per  gallon  were  used  per 
day  and  2  gal.  of  Macli  oil  at  10  ct.  per  gallon.  The  daily  ex- 
penses were  as  follows: 

'     Engineman %  6.00 

Craneman     3.60 

Fireman 2.00 

Watchman    :........        1.85 

Ground  hands ,     9.00 

Total   labor    $22.45 

Cylinder    oil    ?  0.60 

Black   oil    ..: 0.20 

Waste 0.10 

1  ton  coal   1.50 

Total  per  day   $24.85 

The  shovel  loaded  45  ears  of  24  cu^  yd.  per  car  or  600  cu.  yd. 
per  day. 

Sand  for  Ballast.  Two  sand  pits  were  opened  up,  one  on  each 
side  of  the  main  line,  and  the  lead  track  to  each  pit  was  used  aa 
a  loading  track.  A  60-ton  Marion  shovel  was  cut  into  one  pit  and 
a  45-ton  Vulcan  shovel  into  the  other  pit.  Three  work  trains 
were  used  for  spotting  cars,  hauling  and  unloading.  Each  crew 
handled  different  parts. of  the  work  depending  on  the  arrival  of 
the  unloading  trains  and  the  speed  of  loading.  One  crew  usually 
spotted  cars  for  both  shovels.  This  was  done  very  easily  because 
of  the  frequent  moves  of  the  shovels  due  to  the  shallow  face  of 
the  cut.  The  sand  was  a  white  sand  containing  about  20%  loam. 
It  made  a  very  satisfactory  ballast  for  light  traffic.  Hart  con- 
vertible cars  were  used  and  were  unloaded  by  a  Lidgerwood  plow 
on  new  track.  A  large  amount  of  time  was  lost  due  to  the  slow 
running  necessitated  by  the  very  rough  track. 

The  60-ton  Marion  shovel,  working  21  days  in  July,  loaded 
1,075  cars  with  29,008  cu.  yd. 

■  ,The  number  of  days  worked  was  22  or  223  hours,  during  which 
time  there  were  91  hr.  45  min.  delays  distributed  as  follows: 

Cause.  Hr. 

Moving  shovel 23.9 

Waiting  for  cars   53.2 

Closing  car  doors    4.6 

Coal  "and  water    5.8 

Derailments     ^. 3.3 , 

Shovel  repairs   0.9 

Total    91.7 
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The  45-ton  Vulcan  shovel  working  7  days  in  July  loaded  235 
cars  with  7,570  cu.  yd. 

The  number  of  days  worl^ed  was  7,  or  70  hr.,  during  which  time 
the  delays  amounted  to  49  hr.  43  min.  distributed  as  follows: 

Cause.  Hr. 

Moving  shovel    ._. .  7.1 

Waiting  for  oars 28.3 

Tank-  repairs 7.0 

Shovel    repairs    7.0 

Derailments     0.3 

Total  49.7 

The  total  yardage  loaded  by  both  shoiels  was  36,578  cu.  yd. 
The  cost- of  loading,  transporting  and  placing  this  yardage  in  the 
track  was  as  follows  per  cu.  yd.  ■    • 

Loading     ...; $0,040 

Transporting     '': 0.074 

Surfacing    *... 0.231 

Fuel  and  supplies 0.064 

Rental  equipment    ' 0.069 

Supervision     ". 0.025 

Total    $0,503 

The  face  worked  averaged  8  ft.  and  the  haul  was -10  miles. 

In  August  the  two  shovels  worked  more  nearly  the  same  amount 
of  time..  The  total  working  time  of  the  60- ton  shovel  was  ,26  days 
or  310  hours,  during  which  time  there  were  the  following  delays: 

^  60-Ton  Marion  ' 

Hr. 

Moving  shovel    .■. .'. ii.i... 43.0 

Waiting  for  cars   82.5 

Waiting   for   laborers    29.0 

'     ,      Waiting  on  track  vrork y...       6.4,  , 

Miscellaneous     10.0 

Total = 1TO.9 

45-Ton  Vulcan 

Moving    shovel 35.0 

Waiting  for  cars ^°-° 

Waiting  for  laborers 20.0 

Waiting  on  track  virork 15-0 

Waiting  for  power 20.0 

Repairing  shovel  ; 27.0 

Miscellaneous — : 12.0 

Total     ^. -■...: 174.5 

Summarizing  the  work  of  the  two  shovels  we  have: 

60-Ton  45-Ton 

No.  cars  loaded 1,268  1,046 

No.  cu.  yd.  loaded    33,486  30  710 

Av.  cu.  yd.  per  day .M,i  'in 

Av.  ears  per  day  i. *^M,  omi 

Av.  cu.  yd.  per  car ,   ,  26%  ^o^3 
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The  total  yardage  for  the  month  for  both  shovels  was  63,196 
cu.  yd.  The  cost  of  loading,  transporting  and  placing  this  yard- 
age in  the  track  was  as  follows: 

Loading     $0,019 

Transporting     0,046 

Surfacing    0.150 

Fuel  and,  supplies , 0,075 

Rental   equipment '. 0.054 

Supervision    0.019 

Total    $0,363 

Cost  Of  Raising  a  Railway  Emhankment.  Work  on  the  St. 
Louis  and  San  Francisco  ,E.  R.  through  the  Alabopolya  Swamp 
in  La.  isuiescribed  in  Engineering  and  Contracting,  July  13,  1910. 

The  material  in  the  eihbankment  was  the  black  gumbo  com- 
monly encountered  in  Southern  Louisiana  swamps.  The  work 
described  consisted  of  raising  the  embankment  and  flllirig  in  the 
temporary  trestling.     The  conditions  were  difficult. 

The  track  was  laid  following  closely  behind  the  trestle  gang, 
and  frequent  use  of  the  track  by  the  bridge  material  train  put  the 
track  in  very  poor  condition.  A  great  portion  of  the  embankment^ 
built  by  "  station  work  "  was  partially  washed  out  by  high  water, 
leaving  holes  4  ft.  deep  for  15  or  20  ft.  of  track.  The  temporary 
trestles  stood  12  or  18  in.  higher  than  the  approaches.  This  con- 
dition was  due  to  the  excessive  settlement  of  the  swamp  soil  and 
also  to  heavy  rains.  The  worst  holes  were  cribbed  up  with  ties. 
and  tree  branches,  but  even  then  a  great  amount  of  delay  was 
caused  the  unloading  trains  by  derailment  and  trains  breaking  in 
two  in  attempting  to  get  over  the  bad  places.  It  was  necessary 
to  unload  dirt  p,t  these  places  before  the  track  could  be  surfaced, 
as  the  gumbo  would  hot  hold  a  surface  under  one  trainload  of 
dirt.  In  many  instances  ears  were  unloaded  standing  on  track  18 
in.  out  of  level  and  3  ft.  out  of  surface  in  a  distance  of  10  ft. 
lalong  the  rail. 

Hart  convertible  cars  were  used  and  were  unloaded  by  a  Lidger- 
wood  plow.  Before  dirt  was  unloaded  on  the  fills  it  was  necessary 
to  jack  the  track  up  out  of  the  gumbo.  It  was  impossible  to  move 
the  track  with  No.  6  Barrett  jacks  after  the  dirt  was  unloaded. 
In  many  instances  it  was  found  necessary  to  strip  out  the  track 
before  i-t  could  be  lifted  from  the  gumbo  with  12  No.  6  Barret 
jacks,  resting  on  boards,  per  rail  length.  The  grade  on  embank- 
ment was  raised  not  less  than  12  in.  at  any  point. 

The  unloading  was  planned  so  that  when  the  first  gangs  were 
unable  to  get  the  track  in  shape  ahead  of  the  unloading  or  when 
they  were  not  able  to  care  for  the  dirt  as  fast  as  it  came,  the  un- 
loading was  done  on  the  trestles,  and  as  they  were  being  filled 
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a  gang  was  kept  busy  tamping  the  dirt  in  under  the  caps  and 
stringers.  Following  a  rain,  the  dirt  packed  hard  and  the  cars 
and  stringers  were  removed  by  the  Lidgerwood  and  cable. 

The  shovel  pits  from  wtich  the  dirt  for  filling  was  got,  aver- 
aged a  15-ft.  face  and  1,600  ft.  in  length.  The  dirt  was  a  sandy 
clay  compacting  very  quickly  in  embankment.  The  pit  was  opened 
up  along  one  side  of  the  main  line  and  track  laid  behind  the 
shovel  in  the  first  cut  and  used  as  a  loading  track  for  the  next 
cut  of  the  shovel.  More  diflBculty  than  usual  was  experienced 
in  keeping  the  pit  properly  drained.  Good  drainage  was  very 
necessary  to  take  care  of  the  frequent  and  heavy  rains  common  to 
the  country.  Three  trains  were  used,  1  loading  train,  which 
handled  the  water  cars  for  the  shovel,  1  swing  train  which  made 
the  run  of  12  miles  to  the  front  in  40  minutes  and  1  unloading 
train.  The  unloading  was  started  12  miles  from  the  pit.  A  sid- 
ing and  water  tank  were  located  there  affording  water  to  the 
swing  and  unloading  trains.  About  25  minutes  were  generally 
consumed  there  in  switching  empties  and  locals. 

The  work  recorded  was  done  from  Sept.  12  to  Oct.  16,  1907. 
The  daily  expenses  were  as  follows: 

Loading,  Transporting  and  Unloading: 

1  teamster  at  $150  per  mo t    5.00 

3  conductors  at  $100  per  mo : 10.00    ' 

3  brakemen  at  $75  per  mo '. ^    7.50 

3  brakemen  at  $60  per  mo 6.00 

3  enginemen  at  $100  per  mo .'  lO.OO 

3  firemen  at  $75  per  mo .' 7.50 

3  engine  watchmeta  at  $60  per  mo 6.00 

1  hostler  at  $75  per  mo 2.50 

1  hostler  helper  at  $1.80  per  day  1.80 

1  steamshovel  engineman  at  $150  per  mo 5.00 

1  steamshovel  craneman  at  $90  per  mo 3.00 

1  steamshovel  fireman  at  $75  per  mo 2.50 

1  steamshovel  viratchman  at  $60  per  mo 2.00 

1  machinist  at  $0.35  per  hour  3.50 

1  machinist  helper  at  $1.80  per  day  1.80 

1  blacksmith  at  $0.35  per  hour  3.50 

1  blacksmith  helper  at  $0.20  per  hour  2.00 

1  car  repairer  at  $0.25  per  hour  2.50 

1  car  repairer  at  $0,275  per  hour   2.25 

1  carpenter  at  $0,275  per  hour   2.7B 

1  pumper  at;  $60  per  mo 2.00 

1  Lidgerwood  engineer  at  $90  per  mo o.OO 

6  pit  men  at  $2!  per  day  12.00 

6  cablemen  at  $2  per  day  , "■"'> 

Total  V7ages    $116.10 

20  tons  coal  at  $4  »  80»g 

Supplies     1 Iqq 

Water  at '56  ct.  per  tank  from  city  '. 2.00 


16  gal.  gasoline  at  10  ct. 


1.00 


Total  supplies    - i  a6.56 
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1  steam  shovel  rent  ^.'..; ?  10.00 

3  engines  rent  at  $1.53  per  day   ....i^ 16.59 

62  cars  rent  at  50  ct.  per  day  ; 3J.00 

1  water  car  rent  at  50  ct.  per  day 0.50 

1  spreader  rent  at  $2 -per  day  2.00 

1     1  Lidgerwood' rent  at  ?5  per  day  :       6.00     ,,', 

Total  plant  rental' .".; }  65.09 

Add  10%  super,  and  5%  misc $40.15        ^ 

Grand    total    ...'...,.  ...r..... $307.90 

Note.— The' 6%  misc.  includeE 'bveftime, '  etc. 

A  total  of  2,060  cars,  or  60,180  cO.  yd.,  werp  handled  in  30 
working  days,  2  of  which  were  spent  in  moving.  This  isiat  the 
rate  of  2,000  cu.  yd.  per  day,  :at  a  cost  of  15.4  ct.  per  cu.  yd. 

Comparative  Costs  with  Flat  Cars  and'Iarge  Dump  Cars.i  John 
W,  King,  in  Engineering  and  Contracting,  May  17,  1911,  describes 
the  building  of  a  95-ft.  fill,  %  mile  long;  for  the  Union  Pacific 
Railroad  across  the  Papio^  Valley.  The  earth  was  hauled  from  a 
cut  a  little  over  2  miles  away,  of  almost  the  same  depth  as  the 
fill,  but  considerably  shorter.  To  construct  this  fill  a  timber 
trestle  was  erected  to  the  full  height  for  the  entire  lengfthi  the 
bents  being  set  upon  piles  driven  about  20  ft.  into  the  soft  gUmbo 
to  day.  Trains  were  brought  oyer  a  temporary  track,  backed  out 
on  the  trestle  and  there  discharged,  filling  the  trestle  to  the  height- 
of  about  30  ft.,  500  ft.  in  advance  of  a  second  layer,  20  ft.  high, 
which  was  followed  by  a  final  layer,  15  ft.  high.  The  stepping  oflf 
of  the  fill  in  this  way  was  supposed' to  impose  the  load  upon  the 
soil  gradually,  its  weight  squeezing  the  water  out  of  the  soft 
soil,  allowing  it  to  solidify  before  applying  a  greater  load.  The 
weight! of  the  trestle  and  equipment  were  presumably  carried  by 
the  piles.  The  fill  had  been  raised  this  way  until  the  last  layer 
had  been  nearly  finished,  when  without  warning  the  valley  floor 
upheaved,  and  the  earth/  fill  settled  down  in.  places  many  feet. 
The  trestle  was  thrown  badly  out  of  line  and  level  and  con- 
demned as  "unsafe  for  further  use.  Soundings  had  been  taken  by 
the  railroad  company  and  the  contractor  had  accepted  the  work 
with  full-  knowledge  of  the  borings.  He  considered  the  subsoil 
sufficiently  strong  to  support  the  superimposed  load,  with  the 
feeling  that  a  slip,  should  one  occur,  would  be  but  surface  dis- 
lodgment.  The  slip  that  did  occur  (shown  in  Fjg.  1),  however, 
had  a  much  more  far  reaching  efTect,  that  might  have  been 
avoided  had  the  contractor  realized  the  situation  and  provided 
for  this  contingency  in  the  beginning.  Prj&vious  to  the  upheaval 
the  contractor .  had  been  working  a  plant  consisting  of  the  fol- 
lowing : 

2    (7,0-ton)    shovels 

48  (30-ton)  flat  cars 
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2   (60-ton)   r6ad  locos.,  separate  tender,  switching  type 
'3   (30-ton)  saddle  tank  dinkeys  ■     • 

1  Lidgefwood '  unloader  plow 

I  hoisting  engine.  ■ 

Thig  plant,  working  double  shift,  20  hr.  per'  day,  excavated 
5,890  cu.  ^d.,  place  measure.  The  cost  of  direct  operation  per 
en.  yd.  not  including  plant  or  overhead  expenses,  but  only  the'  di- 
rect labor,  was  about  5.56  ct.  per  cu.  yd.  After  the  destruction 
of  the  trestle  the  old  plant  was  removed  from  the  work  and  a  new 
plant  substituted.     This  consisted  of  the  fallowing: 

1  '(90-ton)   shovel 

8  Lawson  33-yd.  dump  cars 

2  road  locomotives,  as  before. 

From  actual  timing  on  the'  trestle,  4  of  these  Lawson  cars  were 
dumped,  replaced,  and  started  on  the  return  to  the  gravel  pit 
within  5  min,,  or  at  the  rate  of  1.25  "min.  per  car,  which  for  a  5- 
car  train  would  require  6.25  min.  at  the  dump. 

With  the  new  plant  eleven  units,  workitfg  double  shift  of  20  hr. 
per  day,  excavated  4,800  cu.  yd.  place  .measure,  at  a -cost  for  di- 
rect operation  of  3.45  ct.  per  cu.  yd.  Thus  1 1  plant  units  with  the 
new  method,  as  against  57  by  the  former  methods,  using  but  40 
men  instead  of.  100,  did  the  work  for  62%  of  Wh£|,t  it  had  for- 
merly cost.^'^ 

Manner  of  Filling  a  75-Ft.  Trestle.  When  the  Spokane,  Port- 
land and  Seattle  Railroad  was  built  in  1907,  Sprague  Gulch  was 
crossed  on  a  trestle  in  order  to  expedite  the  work.  •  This  trestle  is 
4,869  ft.  long  with  a  maximum  height  from  base  of  rail  to  surface 
of  water  of  101  ft.,  and  average  height  of  over  75  ft.  It  is  com- 
posed of  317  six'-post  bents,  56  of  whiclfrest  on  piles. 

The  advantageous  location  of  a  borrow  pit  made  it  possible  to 
fill  this  trestle  at  a  less  cost  than  that  of  replacement  with  a 
^teel  structure.  Advantage  was  taken  of  the  sloping,  bank  on  the 
east  side  of  the  gulch  to  open  borrow  pits  on  each  side  of  the 
track  at  levels  of  the  various  lifts,  thus  avoiding  crossing  under 
the  trestle  and  eliminating  uphill  haul.  Borrow  pits  totaling  180 
acres  were  purchased,  the  material  obtained  being  glacial  drift  of 
gravel  and  boulders. 

The  contractor  provided  two  complete  outfits,  consisting  of  two 
70^ton  Bucyrus  shovels,  with  8  dinkey  engines  and  116  four -yard 
cars,  to  handle  the  work,  and  to  comply  with  the  specifications, 
which  required  that  the  fills  on  each  side  of  the  main  trestle  be 
brought  Up  together  toi  avoid  unequal  pressures  tending  to  force  ' 
the  structure  out  of  line,  it  was  decided  to  buUd  the  fill  in  three 
lifts,  as  shown  in  Fig.  20,  the  first  one  approximately  35  ft.  high 
and  the  other  two  30  ft.  each.    It  was  planned  to  carry  these  lifts 
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across  the  entire  'length  of  rthe  fill,  making  thei  first  lift  across  the 
bottom  of  the  gulch  about  1,800  ft.  long.     However,  the  contractor 
found  such  good  materia    ir.    uncovering  his   first   cut  that  he , 
raised  his  grade  gradually  as  he  extended  the  fill  across  the  gulch 
and  made  a  first  lift  entirely  across  the  bottom. 

The  specifications  also  required  that  the  contractor  build  his 
construction  trestles  as  close  to  the  main  trestle  as  practicable,  and 
fill  out  from  these  so  that  if  there  should  be  any  tendency  for 
the  ground  to  rise  beyond  the  slope,  it  would  not  interfere  with  the 
alignment  of  the  high  trestle.  The  wisdom  of  this  provision  be- 
came evident  when  such  a  movement  appeared  at  one  point  with- 
out any  damage  to  the  trestle.  At  this  point  the  ground  raised 
5  ft.  for  a  strip  about  140  ft.  long  by  50  ft.  wide,  about  two 
months  after  the  work  started.  Since  that  time  no  further  move- 
ment has  been  noted. 

From  the  section  shown  it  will  be  noted  that  diflferent  layers 
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-      Pig.  20.    Manner  of  Pilling  High  Trestle. 

are  sloped  slightly  in  towards  the  center,  so  that  should  there 
be  any  tendency  for  the  material  in  the  bank  to  slide  it  will 
move  towards  the  center  and  compact.  As  fast  as  the  fill  is 
completed  as  far  as  it  can  be  reached  from  the  trestle,  the 
tracks  are  thrown  on  the  fill  and  banks  widened  out  to  the 
slope  stakes  before  a  second  lift  is  started.  When  the  first  lift 
was  entirely  completed  the  shovels  were  moved  up  the  slope 
of  the  borrow  pit  to  the  level  of  the  second  lift,  this  change  caus- 
ing an  interruption  to  the  work  of  but  five  hours. 

Work  Was  started  on  March  15,  and  the  first  lift  completed  on 
August  2_3.  Up  to  October  31,  1,116,505  cu.  yd.  of  material  had 
been  moved.  This  amounts  to  65',200  cu.  yd.  per  month  per  shovel. 
The  contractor's  force  averaged  about  150  men. 

For  filling  the  third  lift  the  contractor  changed  from  narrow 
gage  to  standard  gage  equipment,  unloading  from  the  main  line 
under  control  of  a  regular  train  dispatcher. 

Drag  and  Wheel  Scraper  Work  in  North  Carolina.    The  meth- 
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ods  and  costs  of  constructing  24  miles  of  the  Watauga  and  Yadr 
kin  Valley  R.  R.  in  North  Carjjlina  are  given  by  H.  Q.  Landpn  iji 
Engineering  and  Contracting,  Apr.  1,  1914.  Approximately  24 
miles  were  graded  by  company  forces.  The_  yardage  removed  was 
475,052  of  which  99,688  cu.  yd.  were  rock.  The  labor  cost,  in^ 
eluding  explosives,  was  approximately  12  ct.  per  cu.  yd.  for  earth 
and  36  ct.  per  cu.  yd.  for  rock.  The  powder  used  amounted  to 
213,250  lb.  and  the  dynamite  to  24,000  lb.  It  i^  estimated  tha^ 
the  powder  threw  ofif  the  grade,  so  that  no  further  handling  was 
necessary,  at  least  80,000  cu.  yd.  An  additional  large  yardage 
of  material  was  shaken  up  to  be  loaded  by  wheelers  or  loaded 
into  the  carts  or  cars.  The  methods  and  costs  of  the  rock  exca- 
vation are  described  in  my  "  Handbook  of  Rock  Excavation." 

Almost  all  the  work  was  done  by  company  forces  under  the  dir 
rection  of  the  chief  engineer.  One  small  six -mile  section  was  con- 
structed by  contract.  Mr.  Landon  says  that  it  was  believed  by 
the  organisation  that  the  road  could  be  built  with  greater  speed 
by  company  forces  than  by  contract  and  with  less  annoyance,  as 
it  was  known  that  numerous  changes  of  alignment  would  neces- 
sarily be  made.  He  states  that  it  is  probable  that  the  greater 
portion  of  the  balance  of  the  line  would  be  constructed  by  contract. 

The  first  30  miles  of  line  was,  in  general,  light  work.  There 
were  some  heavy  cuts  and  Alls  but  it  was  not  practicable,  on  ac- 
count of  poor  roads  and  lack  of  bridges,  to  entertain  any_steam 
shovel  proposition,  and  generally  the  cut  and  fills  were  too  light 
to  make  steam  shovel  operation  economical.  Labor  was  very 
scarce  and  it  was  planned  to  do  the  work  with  the  aid  of  teams, 
machines  and  powder  as  far  as  practicable. 

After  a  careful  study  of  the  profile  it  was  decided  to  purchase 
the  following  equipment: 

12  (1%-cu!  yd.)  Troy  wagons  at  $112.50  $1,360.00 

24  drag  scrapers  at  $5.56  133.44 

36  No.  2%  wheel  scrapers  at  $36.75  1,323.00 

1  elevating  grader    920.00 

4  (2,500-Ib.)   wagons  at  $55.00   220.00 

g  (16-£t.  X  24-ft.)  tents  at  $S8.63   309.04 

2  (32^4-ft.  X  65-ft.)  mule  tents  at  $149.30  ;  298.60 

2  Ingersoll  rock  drills  at  $312.50  625.00 

1  (IB-hp.)   boiler  on  wheels,  2nd  hand  300.00 

10  (l-yd.)  dump  carts  with  harness  at  $46.00  460.00 

4  (2-yd.).dump  cars  with  harness  at  $30.00  120.00 

100  steel  wheelbarrows,  3  and  4  cu.  it.  at  $3.00 300.00 

12  doz.  round  point  D  handle  shovels  at  $5.25  63.00 

4  blacksmith  oiitfits,  including  a  .forge,  an^il,  and 

other  tobls  at  $40.00 :; :..... 160.00 

12  doz.  picks  with  handles  at  $4.00  , 48.00 

Total  cost  of  equipment  ^ $6,630.08 

The  dump  wagons  and  grader  were  used  only  about  two  months, 
and  did  fair  work  in  the  territory  where  they  were  employed. 
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They  Were  not  used,  for  9,  longer  period  on  account  of  the  inability 
to  get  sufficient  mules  and  teams  to  operate  them. 

When  the  company  started  work  they  were  advised  that  all  the 
teams  that  would  be  required  could  be  secured  in  the  community, 
but  although' $3  per  day,  or  50  ct.  more  than  the  ruling  price,  was 
paid,  only  15  to  18  -teamsi  and  they  not  of  the  best,  could  be  se- 
cured, it  was  then  decided  to  purchase  mules,  and  45  teams  were 
bought.  The  average  weight  of  these  animals  was  over  1,255 
lb.  These  teams  were  in  almost  continual  daily  service  from' 
August  1,  1912,  to  June,  1913.  Only  two  mules  were  lost -and  it 
is  estimated  that  there  was  not  over  5%  Idst  time  from  the  mules 
in  service;  iTie  cost  of  feeding  the  mules  averaged  95  ct.  per 
team  per  day^  Haiy  averaged  $25  per  tori  and  oats  57.5  ct.  per 
bushel  delivered  at  the  camp.  The  teams  were  well  fed  and  were 
taken  care  of  by  a  competent  stable  boss  "which  accounts  for  the 
small  percentage,  of  loss  in  mules  and  in  time. 

Organization  of  Forces.  The  organizations  of  the  various  forces 
were  fixed  and  were  called  "  standard "  and  were  only  varied 
when  it  was  shown  that  the  needs  of  the  work  demanded  it. 

The  "  standard  "  wheel  scraper  force  was  as  follows  for  hauls 
riot  exceeding  300  ft.  Six  wheel-scrapers  with  teams  and  drivers, 
two  teams,  two  plows,  one  snatch  team,  one  man  dumping,  one 
loader,  one  wheeler,  one  water  boy  when  required  and  one  fore- 
man. When  the  haul  increased,  the  number  of  wheel  scrapers  was 
increased  in  order  to  keep  the  snatch  team  and  other  laborers 
busy.  This  was  very  closely  watched  by  the  foremen  of  the 
various  gangs  in  order  to  keep  up  their  record,  as  every  dumper 
was  supplied  with  a  counter  and  the  day's  work  reported.  In 
this  way  a  very  close  estimate  could  be  made  of  the  yardage 
moved. 

Drag  Sdtaper  Work. .  The  "  standard  "  drag  scraper  force  con- 
sisted of  six  scrapers  with  teams  and  drivers,  two  teams  to  plow, 
one  dumper,  one  loader,  one  foreman,  and  one  water  boy. 

The  drag  scraper  work  and  the  wheel  scraper  work  were  watched 
with  great  care  to  determine  the  economical  haul.  The  drag 
scraper  is  efficient  for  very  short  hauls.  Observation  of  the 
various  hauls  up  tb  200  ft.  fully  demonstrated  the  fact  that  for 
a  distance  of  over  100  ft.  the  drag  scraper  was  an  expensive  im- 1 
plement.  Under  100  ft.  it  would  do  efficient  work.  Wheel 
scrapers  ordinarily  could  be  used  where  the  drags  could  be  used, 
and  had  the  advantage  of  making  about  the  same  speed  with  about 
five  times  ^he  load.  As  a  general  rule  only  a  few  drags  should 
be  used  on  work  of  this  kind.  Their  advantage  is  in  their  cheap- 
ness, and  for  a  small  amount  of  work  for  short  hauls  the  drag 
scraper  is  desirable.    A  gang  of  wheel-barrow  men  properly  han- 
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died  will  do  work  about  as  cheaply  as  a  drag,  and  in  some  in- 
stances  at  Jess  expense. 

Assuming  the  haul  for  drag  scraper  to  be  100  ft.,  a  lively  mule 
team  to  a  scraper  will  not  make  over  1.3  mijes  per  hr.  on  account 
of  the  frequent  turns  in  loading,  or  about  6,900  ft.  per  hour. 
This  is  at  the  rate  of  3.45  cu.  yd.  per  hour  or  34.5  cu.  yd.  per 
10-hr.  day  per  team.  With  a  "  standard "  drag  scraper  force, 
and  teams  at  $3  per  day,  8  drags  will  handle  27;. 6  cu,  yd.  each, 
per  10-hr.  day  at  a  total  labor  cost  oif  $37.50  or  nearly  14  ct.  per 
cu.  yd.  For  a  haul  of  from  50  to  75  ft.  the  cost  will  not  exceed 
12  ct.  per  cu.  yd.  About  75  ft.  should  be  the  maximum  haul  with 
drag  scrapers.  Six  drag  scrapers  with  a  shorter  haul  were  there- 
fore established  ffs  the  maximum  to  be  used  with  ihe  minimum 
haul.  Actual  observation  of  a  110-ft,  haul  with  country  teams 
indicated  that  under  the  best  conditions  only  25.5  trips  were  made 
per  hr.,  or  a  speed  of  83  ft.  per  min.  The  company  teams,  which 
were  all  well  fed  Missouri  mules,  made  as  high  as  120  ft.  per  min. 
with  drag  scrapers  on  a  haul  of  150  ft.  These  results  were  ob- 
tained under  the  best  possible  conditions  where  the  dumper  man 
counted  and  reported  every  load  and  in  addition  the  teams  were 
under  personal  observation  of  the  general  manager. 

A  few  drag  scrapers  on  every  job  of  similar  character  are  a 
good  investment  but  the.  number  in  use  should  be  limited.  An^ 
injudicious  foreman  will  often  use  them  at  the  company's  expense. 
Wheel  Soraper  Work.  The  "  standard "  wheel  scraper  forces, 
above  given,  were  modified  as  the  hauls  increased,  the  rijijnber  of 
wheelers  increased  to  8  and,  possibly,  with  very  long  hauls,  to  10 
or  even  12.  In  only  one  instance  did  the  haul  with  wheelers  much 
exceed  600  ft.,  and  in  this  instance  the  haul  averaged  1,350  ft.; 
ten  wheelers  only  were  available  but  they  were  able  to  handle  225 
cu.  yd.  at  a  cost  of  23,5  ct.  per  cu.  yd.,  figuring  teams  fit  $3.50 
per  10-hr.  day,  although  all  the  teams  which  were  actually  used 
cost  only  $3  per  day.  , 

With  a  haul  of  415  ft.  a  careful  timing  of  the  teams  indicated 
that  they  were  making  4  trips  ifl,20  min.  An  average, of  twelve 
trips  per  hour  was  made  for  the  entire  day.  The  wheelers  were 
loaded  tO:  their  capacity  and  therefore  an  average  of  nearly  60 
cu.  yd.  per  wheeler  was  secured.  The  wheeler  force  using  only 
6  wheelers  cost  $30  per  day.  The  labor  cost  in  this  case  did  not 
much  exceed  10  ct,  per  cu.  yd. 

Wheel-Barrow  Emcavation.  The  wheel-barrow,  when  properly 
used,  was  a  most  useful,  necessary,  convenient,  and .  economical 
tool.  Three  types  of  barrows  were  purchased:  The  ordinary 
railroad  wooden  barrow,  'the  wooden  frame  contractor's  bairow 
with  steel  tray,  and,  the  whole  steel  wheel-barrow  with  one-piece 
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tubular  bent  handles.  Barrows  of  3  and  4  cu.  ft.  capacity  were 
,  bought;  the  barrow  holding  4  cu.  ft.  in  general  seemed  to  suit  the 
work  and  could  be  handled  about  as  easily  as  the  barrow  holding 
only  3  cu.  ft.  'The  ordinary  wooden  barrow  gave  very  poor  serv- 
ice. A  few  of  the  barrows  with  wooden  frames  went  out  of  serv- 
ice, but  the  whole  steel-  wheel-barrows  were  practically  as  good  as 
new  after  8  months'  fairly  good  service.  The  barrows  were  painted 
when  out  of  service  any  length  of  time.  '- 

For  side  hill  work  and  for  open  grade  work  the  barrow  gave 
very  efficient  service.  Observations  on  side  hill  work  showed  that 
gangs  of  25  men  handled  dirt  at  the  rate  of  8  wheel-barrows  per 
min.  for  an  hour  with  a  haul  of  21  ft.  This  would  mean  that 
they  moved  over  500  cu.  yd.  in  wheel-barrows  holding  4  cu.  ft. 
Good  runways  were  always  provided  so  that  the  loads  could  be 
moved  with  the  least  possible  waste  of  energy. 

The  gangs  were  placed  in  the  hands  of  efficient  foremen  who 
taught  the  men  how  to  handle  the  dirt  with  the  least  possible 
loss  of  time.  At  all  times  it  was  the  endeavor  to  have  a- "  stand- 
ard gang "  of  not  less  than  25  men  under  each  foreman.  The 
work  varied  as  the  conditions  necessitated.  In  some  cases  much 
drilling  was  required  and  in  others,  none  at  all. 

Dump  Car  and  Cart  Excavation.  Four  small  dump  cars  with 
revolving  bodies  were  found  to  be  convenient  and  useful  in  short 
cuts  and  at  the  approaches  to  the  one  tunnel  that  was  built. 
These  cars  run  on  a  track  of  30-in.  gage  and  had  a  capacity  of  2 
cu. ,  yd.  Tlie  cars  were  particularly  useful  in  small  cuts  and 
where  the  haul  was  long.  The  revolving  body  would  permit  the 
car  to  be  dumped  in  building  the  fill  ahead  of  it  or  it  could  be 
dumped  on  the  side  to  widen  the  fill  or  waste  the  material. 
Light  rails  not  being  available,  these  cars  were  run  on  a  track 
made  of  4  x  4  oak  timbers.  The  wooden  rails  required  only  a 
few  renewals  during  theii:  six  months'  service. 

Dump  carts  could  be  used  economically  only  upon  hauls  about 
100  ft.  long,  but  two  of  the  cars  moved  by  mules  could  keep  a 
gang  of  10  to  12  shovellers  continually  busy  where  the  haul  was 
from  600  to  700  ft. 

In  one  cut  alone  it  is  estimated  that  two  of  these  cars  handled 
15,000  cu.  yd.  of  earth  and  rock  with  a  maximum  haul  of  650  ft. 
at  a  cost  not  to  exceed  20  ct.  per  cu.  yd.  The  average  gang,  in- 
eluding  drillerS)  was  about  14  men  and  a  foreman.  This  number 
of  men  loaded  about  150  cu.  yd.  per  day  at  a  labor  cost  of  about 
$25  per  day.     It  took  nearly  three  months  to  remove  the  cut. 

While  dump  carts  could  be  used  for  the  short  hauls  of  100 
to  125  ft.  efficiently,  yet  they  were  used  to  advantage  where  the 
maximum  haul  was  250  ft.,  provided  the  roadway  was  kept  in 
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good  order  and  several  carts  were  used  to  keep  a  good  sized  gang 
moving.  In  one  instance  6  carts  were  used  in  completing  a  fill 
and  did  the  work  very  rapidly  ^where  the  haul  was  approximately 
150  ft.  Six  carts  and  30  laborers  moved  325  cu.  yd.  per  day  at 
an  expense  of  approximately  $47  or  about  15  ct.  per  cu.  yd.  As 
a  general  rule  the  cost  of  handling  earth  and  rock  with  dump 
carts  and  men  was  about  26  ct.  per  cu.  yd.,  exclusive, of,. the  cost 
of  explosives.    ;      ,,       : 

Methods  of  Using  Explosives  in  Soft  Chround.  In  using  ex- 
plosives it  was  difficult  at  first  to  get  the  desired  results,  as  all 
the  old  time  powder  men  believed  in  the  single  shot  or  two  or 
three  shot  method  rather  than  in  the  large  blast.  Moreover 
the  experienced  men  that  were  employed  had  only  used  explosives 
to  shatter  and  break  up  rock  or  very  hard  soil,  so  that  it  could  be  . 
handled  by  either  hand  or  steam  shovels,  and  the  old  powder  men 
at  first  tried  to  continue  the  use  of  that  method,  whereas,  it  was 
desired  to  throw  as  much  of  the  earth  and  rock,  from  the  cuts  as 
possible  without  resorting  to  further  methods  of  removal. 

In  general,  in  earth  or  soft  rock  where  the  cut  at  the  center 
line  was  over  4  ft.,  the  first  line  of  holes  was  placed  not  more  than 
2  ft.  above  the  center  line.  All  holes  were  driven  to  a  point  2 
ft.  below  grade  and  usually  about  the  same  distance  apart  as  the 
depth  of  hole  to  grade,  except  when  the  depth  was  greater  than 
,15  ft.  The  maximum  distance  apart  was  15  ft.  If  the  hillside 
was  steep  and  the  lower  side  of  the  road  bed  at  grade,  one  set 
of  holes  was  sufficient.  If  the  cut  under  ordinary  circuinstances 
was  a  through  cut  with  a  depth  of  cut  of  2  ft.  or  more  on  the 
lower  side,  then  a  lower  set  of  holes  was  drilled  parallel  to  the 
first  at  the  lower  ditch  line  at  points  midway  between  the  upper 
holes,  so  that  there  would  be  no  question  of  moving  the  material 
out  of  the  way.  This  did  not  materially  increase  the  amount  of 
powder  used  as  1  cu.  yd.  of  soft  rock  and  earth  was  moved  with 
about  2  lb.  of  powder.  The  soft  rock  usually  was  a  decomposed 
granite  or  Carolina  gneiss  which  was  not  hard  to  drill.  The  gen- 
eral tendency  was  to  use  too  much  powder.  In  putting  down 
holes  in  earth  and  soft  rock  hand  and  churn  drills  were  success- 
fully used. 

Bibliography.  "  Railroad  Construction,"  Walter  luring  Webb; 
"  The  Catskill  Water  Supply  of  New  York  City,"  Lazarus  White; 
"  Railway  Estimates,"  F.  Lavis. 

"  Relative  Cost  of  Filling  and  Building  Trestles,"  Trans.  Eng. 
Asso.  of  the  South,  Vol.  12,  1901. 

"  Settlement  of  the  Embankment  Between  Squantum  and  Moon 
Island,  Boston  Main  Drainage  Works,"  Henry  N.  Carter,  Jour. 
•Am,Eng.Sqc.,loin,l%^'i.. 
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"  Second  Track  Construction  and  improvement  of  Line  and 
Grade  from  Madison  to  Bariboo,  Wisconsin,  Chica;go  and  North 
Wfestern  Ry.,"  H.  W.  BAiten,  Engineertag  News,  J-ane  3,  1897; 
"Method  of  Crossing  Marshy  Ground  On'  the  Detroit  and  Milwau- 
kee Ry.  in  1877,"  Eng.  News,  Nov.  21,  1901;  "An  Interesting  Ex- 
ample, of  False  Work  Construction,"  J.  F.  Jackson,  Eng.  News, 
Marcli  9,  1893 ;  "  Haslett  Parfe  Sink-Hole  on  the  Grand  Trunk 
Railroad,"  Ry.  and  Eng.  Review,  Dec.  ,31,  1904;  Lon^  Fill  Built 
from  Borrow. 


CHAPTER  XX 

DESIGN  AND  CONSTRUCTION  OF  EARTH  DAMS 

Design  of  Earth  Sams.     H.  A.  Hageman  in  the  Stone  and  Web- 
ster Journal,  Feb.,  1916,  gives  the  following: 
Earthen  dams  usually  consist  of 

-  ( 1 )     A  bank  of  earth  containing  homogeneous  material  through- 
out,, or  ,      ; ;  ; 

(2)  An  embankment  having  a  central  core  of  masonry,  con- 

crete, or  a  puddle  of  selected  impervious  materials,  or 

(3)  An  embankment  having  a  puddle  or  selected  material  on 

the  water  slope,  or         _  /. 

(4)  Aij.  embankment  resting  against  an  embankment  of  loose 

rock,  or  ^ 

(5)  An  embankment  of  earth,  sand  and  gravel,  sluiced  into 
.:-  ;■  place  by  flowing  water. 

■  The  plan  of  construction  adopted  is  dependent  upon  conditions 
at  the  dam  site,  the  materials  available  and  the  design  of  the 
structure.   . 

Foundation.  The  data  site  should  be  carefully  selected  and  its 
location  chosen  only  after  the  character  of  the  foundation  has 
been  thoroughly  examined  by  test  borings. 

It  is  important  that  the  dam  be  constructed  on  a  stratum  that 
is  impervious  or  nearly  so,  and  that  suitable  cut-offs  be  provided 
to  prevent  harmful  leakage  through  the  structure. 

The  entire  surface  area  within  the  confine  of  the  dam  should 
have  all  the  undesirable  material  removed  from  the  foundation. 

The  depth  of  the  excavation  is  dependent  on  the  character  of 
the  material  encountered  and  the  judgment  of  the  engineers. 

Any  springs  encountered  should  be  diverted  or  drained. 

Materials.  The  best  results'  are  obtained  from  a  mixture  con- 
taining 70  to  80%  gravel,  having  sufficient  variety  of  sizes  and 
the  balance  of'  clay  to  completely  fill  the  voids.. 

The  use  of  clay  alone  or  in  large  quantities  is  not  recom- 
mended, as  it  swells  when  wet  and  shrinks  in  drying.  The  per- 
centage of  clay  to-be  used  in  the  dam  varies  frdm  15  to  30%,  the 
amoiuit  being  entirely  dependent  upon  the  nature  of  the  material 
mixed  with  it. 

That  portion  of  ,^he  fill  outride  the  puddle^  section  should 
consist  of  sand,  loam  or  fine  gravel,  carefully  selected. 

No  material  which  is  liablie  to  disintegrate  or  which  is  soluble 
in  water  should  be  used. 

It  is  desirable  that  a  mechanical  analysis  should  be  made  of 
the  materials  in  the  foundation  of  the  dam  and  those  of- which 
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it  is  to  be  constructed;  also  that  the  rates  of  percolation  of  water 
through  the  material's  should  be  determined. 
Reference  is  given  to  the  experiments  of 

1892  Report  of  Massachusetts  State  Board  of  Health. 
North  Dike  of  the  Wachusett  Reservoir,  Clinton,  Mass.,  by 

P.  P.  Stearns.  " 

Trans.  A.  S.  C.  E.,  Vol.  XLVIII,  pp.  259-277. 

Eng.  News,  May  8,  1902. 
Cold  Springs  Dam 
'  Eng.  News,  March  7,  1907., 
The  Bohio  Dam,  Panama,  by  G.  S.  Morison 

Trans.  A.  S.  C.  E.,  Vol.  XLVIII,  with  discussion  by  F.  P. 
Stearns  and  others. 

Design.  The  design  of  earthen  dams  should  not  be  based  upon 
mathematical  calculations  of  equilibrium  and  safe  pressure,  as  in 
the  case  of  masonry  dams,  but  rather  upon  results  obtained  from 
experience. 

The  important  factors  to  be  studied  to  determine  the  profile  of 
a  proposed  earthen  dam  are: 

(1)  Selection  of  the  dam  site.' 

(2)  Character  of  the  foundation. 

(3)  .Material  available. 

(4)  Percolation  factor  of  the  material  to  be  used  in  con- 

structing the  dam  and  that  in  the  foundation. 

(5)  Location  and  kind  of  core  wall,  if  necessary. 

.  (6)     Slope  of  upstream  and  downstream  faces,  including  loca- 
tion and  width  of  berms. 

(7)  Height  of  top  above  high  water. 

(8)  Paving  of  slope  above  high  water. 

(9)  Location  and  class  of  construction  of  spillway,  outlet' and 

waste  pipes,  etc. 
,  (10)     Placing  of  material.     Hydraulic  or  dry  fill. 

Profil^  Dimensions.  The  dimensions  usually  adopted  for  the 
profile  are  as  follows: 

,  Top  width,  see  formula  below. 
Superelevation  above  high  water,  5  to  25  ft. 
Upstream  slope,  not  less  than  3  to  1. 
Downstream  slope,  not  less  than  2  to  1. 

The  following  formula  has  been  suggested  for  determining  the 
top  width. 
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W  =  1/5  h  +  5. 

W  =:=  top  width  in  feet. 

h  =  height  of  dam  in  feet. 

ITie  top  of  the  dam  should  be  beyond  the  reach  of  all  waves  and 
the  following  formula  by  Stephenson  is  commonly  used  for  deter- 
mining the  height:  , 

4 

X  =  1.5F-f  (2.5— vT) 

X  =  Height  in  feet  above  high  water  elevation. 
F  ^  Sweep  of  wind  in  miles  in  the  longest  straight  line  which 
can  be  drawn  on  the  water  surface  of  the  reservoir. 

The  upstream  slope  is  made  flatter  than  the  downstream  slope 
for  the  reason  that  the  natural  slope  of  earth  is  less  when  wet 
than  when  dry. 

The  upstream  slope  should  be  paved  with  stone  or  concrete  to 
protect  the  dam  froni  wave  action  and  burrowing  animals. 

The  downstream  slope  should  be  paved  or  seeded. 

Core  ^all.  The  subject  of  the  Icind  of  core  wall  that  should  be 
provided  for  an  earthen  dam  is  a  much  disputed  question. 

When  sufficient  impervious  material  is  obtainable  to  construct 
the  entire  structure,  it  is  obvious  that  a  core  wall  is  unnecessary. 

When  a  core  wall  is  necessary  the  type  to  be  used  should  be 
carefully  considered. 

English  engineers  are  disposed  to  favor  a  puddle  core  wall, 
while  American  engineering  practice  inclines  toward  a  masonry 
core  wall,  although  many  dams  containing  a  puddle  core  wall  have 
been  built  in  this  country, 

The  core  wall  should,  if  of  concrete,  always  be  well  reinforced 
and  constructed  upon  an  impervious  foundation  and  extend  up 
to  the  high  watpr  elevation.  It  should  be  well  supported,  on 
each  side  by  the  embankment,  and  carefully  placed  in  such  a  man- 
ner as  not  to  distort  or  break  the  wall  during  construction. 
,  Puddle  Core.  The  puddle  core  is  usually  less  expensive  than 
the  masonry  core.  When  properly  constructed  it  is  practically 
watertight  and  settlement  of  the  embankment  does  not  tend  to 
rupture  it.  It  also  makes  a  better  union  with  the  rest  of  the  em- 
bankment than  the  masonry  core. 

Undoubtedly  the  best  material  for  a  puddle  core  is  a  gravel 
containing  just  enough  clay  to  bind  the  parts  tpgether  and  make 
them  water-tight.  When  the  material  cannot  be  obtained  in 
bulk,  ihe  component  parts  should  be  uniformly  mixed,  dry,  then 
wetted  and  worked  to  make  a  tough,  elastic  mass.  The  material 
should  be  deposited  in  thin  layers  and  well  rolled  when  suffi- 
ciently dry. 
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The  dimensions  for  a  puddle  core  wall :  , 

Top  and  bottom  thickness  should  in  each  included  case  be  a 
matter  of  judgment  with  the  engineer,  ■yrhose  decision  with  re- 
spect to  the  dimensions  will  be  governed  by  the  quality  of  the 
material  availalble  for  the  embankment.''  ' 

Modern  engineering  practice  suggests  that  dimensions  less 
than  the  following  should  not  be  used. 

Masonry  Core.  The  chief  objections  to  a  masonry  or  concrete 
core  wall  are  the  danger  of  its  having  to  withstand  the  total  water 
pressure  due  to  percolation  froni  the  reservoir  through  the  up- 
stream slope  and  to  the  prpbability  of  being  cracked  from  temper- 
ature changes  or  from  the  settlement -of  the  embankment. 

Masonry  core  walls  are  usually  from  2.5  to  6  ft.  wide  at  the 
high  water  elevation  and  both  surfaces  are  battered  uniformly 
from  the  top  to  the  natural  ground  surface  and  then  are  vertical 
to  the  foundation. ' 

The  thickness  at  the  bottotn  of  the  batter  should  be  from  one- 
sixth  to  one-eighth  of  the  head  of  vpater  on  the  dam. 

Placitig  the  Embankrhent.  When  the  material  is  not  placed  by 
the  hydraulic  process,  it  should  be  deposited  in  thin,  level  layers, 
wetted  and  rolled  with  a  heaiVy  powSr-driven  roller.  Before 
placing  an  additional  Ikyer  of  material,  the  last  one  should  te 
wetted  and  harrowed  to  insure  bonding  with  the  next  course. 

The  upstrea,m  side  of  the  embankment  should  be  kept  higher 
than  the 'downstream  slope  for  drainage  purposes. 

The  conditions  best  suited  for  an  economical  hydraulic  fill  are: 

(1)  An  abundance   of  water   at  an   elevation   or  pumped  to 

form  a  sluicing  head.  ' " 

(2)  An  ample-deposit  of  the  materials  for  forming  the  dam, 

convenient  to  both  ends  and  at  an  elevation  to  permit 
of  the  grades  necessary  to  carry  the  material. 

It  is  customary  to  deposit  the  coarser  materials  near  the  slopjes 
and  the  finer  materials  toward  the  center. 

The  hydraulic  sluicing  method  affords  a  safe  and  satisfactory 
method  of  constructing  an  earthen  dam,  since  it  segregites  the 
puddle  cores  from  all  classes  of  soils  and  assembles  them,  into  a 
mass  of  marked  uniformity. 

Bj  this  method  the  structure  does  not  require  a  core  wall  and 
a  large  proportion  of  the  dam  when  made  from  proper  materials 
becomes  puddle  clay.  ' 

The  procfess  has  been  used  successfully  in  constructing  many 
important  embankments,  ahd  it  has  been  suggested  that  it  offers 
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a  reasonable  comproHiise  between  core  Walls  of  masonry  and  puA- 
died  clay.  '  ■ 

When  the  materials  which  are  to  be  used  in  constructing  the 
dam  have  been  fully  analyzed  mechanically  and  -the  percolation 
factor  is  known,  the  most  impervious  material  is  placed  next  to 
the  water  line,  the  least  impervious  material  being  placed  on  the 
ddwnstream  slope  vi^here  it  will  give  stability  and  drainage. 

Slope  Protection.  The  upstream  slope  above  the  low  water  line 
should  be  protected  by  a  facing  of  rock  paving.  The  stones 
should  be  laid  on  edge  in  a  course  of  graVel.  The  least  dimension 
of  any  stone  should  hot  be  less  than  8  in.- 

Below  the  water  line  the  slope  should  be  covered  with  loose 
rock.     All  voids  between  the  stones  should  be  filled  with  gravel. 

The  top  of  the  embankment  should  be  paved  or  sodded,  as 
may  be  decided  upon. 

The  downstream  slope  should  be  cbvered  with  loam  and 
planted  with  a  quick  growing  grass  seed.  ; 

All  berms  should  have  paved  drains. 

Appurtenances  fbr'  Dams.  The  waste  water  spillway  is  ah  es- 
sential part  of  the  dam,  and  its  lodatidn  and  coiistruction  should 
be  carefully  considered.  Its  location  is  somewhat  dependable 
upon  local  conditions.  ' 

The  spillway,  together  With  its  abutments  aiid  wing  Walla, 
should,  where  possible,  be  fdunded  on  rock  and  constructed  en- 
tirely of  masonry  wdll  anchored  to  the  earth  fill,  with  cut-Off 
walls  of  such  dimensions  as  will  preclude  air  possibility  of  water 
'passing  under  or  aroiihd  it.   '  •       ' 

The  design .  should  provide  for  a  weir  and  wing  walls  of- suc*h 
dimensions  that  iinusual  floods  can  be  easily  discharged  throiigh 
the  overflow  waterway  without  coming  in  contact  with  or  causing 
any  damage  to  the  earth  embankment. 

It  is  important  that  all  conduits,  whether  of  me£al  or  masonry, 
that  are  built  into  the  dam,  shall  be  supported  on^  an  unyielding 
foundation. 

Masonry  cut-off  walls  should  be  built  around  the  conduits  at 
intervals,  to  prevent  water  leakage  between  the  conduit  and  the 
earth  fill. 

Permeability  of  Concrete  and  Fuddle  Walls  in  Earth  Dams 
is  discussed  by  W.  D'Rohan  in  Engineering  and  Contracting,  Jan- 
uary 18,  1911.  He  draws  a  comparison  between  conditions  found 
hy  a  board  of  engineers  Who  were  consulted  as  to  the  safety  of 
the  new  Croton  Dam  and  conditions  found  in  the  north  and  south 
dikes  of  the  Wachuaett  dam.  The  proposed  extension  of  the  "Hew 
Croton  Dam  was  to  be  of  earth  with  ia  masonry  core  wall  of  over 
•180  ft.  in  height.     Under  their  direction,  borings  were  made  in 
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'  several  earthpn  dams  with  concrete  and  masonry  core  walls  at 
right  angles  to  the  axis,  and  at  such  intervals  as  to  show  that  in 
almost  every  case  there  was  a  continuous  watei  plane  extending 
from  the  water  surface  of  the  reservoir  to  the  core  wall,  and  on 
the  downstream  side  to  the  lower  toe  having  a  maximum  in- 
clination of  20%,  thus  showing  that  the  cores  were  not  water  tight 
and  not  effective  in  preventing  water  from  passing  through  the 
dam,  as  the  dams  were  saturated  below  this  plane.  While  this 
seepage  may  be  low  and  have  no  power  to  remove  any  particles  of 
the  dam,  nevertheless,  it  is  a  source  of  danger  and -the  recommen- 
dation of  the  Board  to  substitute  a  masonry  dam,  was  imme- 
diately adopted.  ,      .  •     ,, 

The  puddle  core  built  in  the  north  and  sou^h  dikes  of  the  W^- 
chusett  dam  consisted  of  6-in.  layers  of.  iine  loam  soil,  well  sprin- 
kled and  rolled.  Recent  experiments  to  determine  the  perme- 
ability of  this  type  of  earth  or  loam  core  in  an  earth  dain  have 
been  made  by  means  of  a  series  of  pipes  driven  into  the  embanlf- 
ments  of  the  Wachusett  dikes.  The  results  as  reported  indicate' 
that  while  the  plane  of  saturation  on  the  reservoir  side  of  the 
loam  core  Was  level  with  the  water  in  the  reservoir,  it  dropped 
immediately  below  this  core  to  a  level  slightly  above  the  base  of 
the  dam.  Weekly  measurements  proved  that  the  amount  of 
water  draining  out  of  the  dike  was  »ot  in  excess  of.  what  might 
be  expected,  as  the  natural  drainage  f roin  precipitation  on  the 
area  of  the  dike  its.elf .  No  masonry  or  concrete  core-wall,  evei- 
built  in  an  earth  dam-  can  show  better  results  than  these,,  and 
few  can  compare  with  them  in  the  absence  of  percolation  from 
the,  reservoir. 

Concrete  Core  Walls  are  used  in  India,  as  protection  against 
burrowing  animals  only.  Puddling  clay  is  scarce  and  dams  are 
made  a  homogeneous  whole  to  prevent  percolation.  For,  protec- 
tion from  burrowing  animals,  a  6-in.  layer  of  broken  stones  on 
the  lower  slope  has  been  found  suiHcient  in  English  and  Indian 
dams. 

The  San  Leandro  Dam.  Burr  Bassell  in  Engineering  News, 
Sept.  11,  1902,  gives  the  followihg: 

The  San  Leandro  dam,  of  the  Oakland  Waterworks,  Calif.,  was 
commenced  in  1874,  and  construction  was  continued  without  in- 
terruption until  the  latter  part  of  1873,  when  a  height  of  115  ft. 
above  the  bed  of  the  creek  had  been  attained. 

A  general  plan  and  a  cross-section  of- the  dam  are  shown  in 
Fig.  1.  The  crest  of  the  dam  is  now  500  ft.  long  and  28  ft.  Vide. 
The  original  width  of  the  ravine  at  the  base  was  66  ft.  The 
length  of  the  axis-  of  the  base  from  toe  to  toe  of  slopes  is  now 
1,700  ft.    The  toe  gf  the  lower  slope  is  ,121   ft.  below  the  high 
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water  surface  of  the  reservoir.     A  puddle-filled  trench  was  car- 
ried  down   30   ft.   beneath   the   original   surface,   reaching   rock, 
except  at  the  east  end,  where  20  to  30  ft.  of  solid  olay  was  pene- 
trated. 

It  was  the  original  intention  of  the  company  to  raise  the  dam 
_  10  ft.  every  4  or  5  years  until  it  was  50  ft.  higher  than  it  is 
today,  or  to  a  height  of  175  ft.  above  the  bed, of  the  creek,  and 
in  order  to  do  this  safely,  the  base  of  the  dam  was  extended  to 
the  dimensions  shown  by  the  sketches.  All  that  portion  of  the 
dam  within  a  aslope  of  1  on  2%  at  the  rear  and  1  on  3  at  the  face. 


i gfj**-^.     1         ISO'       ?  too'       "^f — 


Developed    Section  of  Dam . 


Fig.  1. 


Plan. 

Plan  and  Cross  Section  of  the  San  Leandro  Earth  Dam. 


is  built  of  choice  material,  carefully  selected  and  put  in  with 
great  care.  The  portion  outside  of  the  1  on  iy^  slope-line  at  the 
downstream  side  of  the  dam,  was  sluiced  in  from  the  adjacent 
hills  regardless  of  its  character,  and  is  pf  ordinary  soil  with  more 
or  less  rock.  • 

This  process  of  sluicing  was  to  be  carried  on  during  the  winter 
months,  by  gravity  flow,  when  there  was  an  abundance  of  water, 
until  eventually  it  would  fill  the  canyon  below  the  dam.  This 
would  give  an  average  slope  of  1  on  6.7  at  the  rear.  It  was 
thought  that  the  location  was  particularly  favorable  for  this  kind 
of  construction,  the  original  intention  being  to  raise  the  dain 
from  time  to  time,  as  already  stated,  not  only  to  increase  the 
storage  as  the  demand  for  water  increased,  but  to  meet  the  an- 
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nual  loss  in  capacity  caused  by  the  silting  up  of  the  reservoir 
■"basin.     I  understand  that  this  deposit  has  averaged  about  1  ft. 
in  depth  per  annum. 

Some  material  was  also  sluiced  in  on  the  front,  or  wet  slope, 
for  the  reason  stated  by  Mr.  Boardman,  as  follows: 

The  rocky  ridge  through  which  the  upper  and  lower  tunnels  are, 
driven  is  of  a  broken  formation,  some  of  it  very  hard  and  other 
portioiis  soft,  more  or  less  broken  arid  full  of  sBams,  and  we  dis- 
covered water  percolating  through  the' seams  into  the  ttinnd^.  It 
was  impossible  to  get  at  the  face  of  the  slope,  or  find  the  seams, 
as  the  reservoir  was  full,  and  had  it  been  empty  we  could  not 
have  found  them.  The  only  practical  way  was  to  sluice  in  fine 
clay  on  the  face  of  the  slope,  which,  under  the  action  of  the  water, 
closed;  up  the  seams  and  stopped  the  seepage. 

Under  the  main  bidy  of  the  dam  the  suriface  was  stripped  of 
all  sediment,  sand,  gravel  and  vegetable,  matter.  Choice  mate- 
rial, parefully  selected,  was  then  brought  in  py  oa,Tts  and  wagons 
and  ievenly  distributed  over  the  surface  ia.  layers  about  1  ft.  or 
less  in  thickness.  This  was  sprinkled  with  just  enough  water 
to  make  it  pack  well,  not  enough  to  make  it  like  mud.  - 

During  construction  a  band  of  horses  was  led/lliy  a  boy  on 
horseback  over  the  entire  work,  to  compact  the  ifis(ferials  and  as- 
sist'in  making  the  dam  one  homogeneous  mass,  i^^o  rollers  were 
used  on'this  dam.  ...  -   :  ,  .:.-■ 

The  central  trench  was  cut  30  ft.  below  the  original  creek  bed. 
In  the  bottom  of  this  trench  three  secondary  trenches,  3  ft. 
wide  by  3  ft.  jieep,  were  made  and  filled  with  concrete.  These 
concrete  walls  were  carried  up  2  ft.  above  the  general  floor  of  the 
trench  to  break,  the  continuity  of  its  surface. 
,  The  Asbokan  Reservoir.  Engineering  and  Contracting  Oct.  19, 
1910,  gives  the  following: 

Tlie  Ashokan  Reservoir  is  formed  by  a  masonry  dam  with  earth 
wings  across  Esopus  Ci-eek,  and  a  long  earth  dike  across  the  val- 
Ifey  of  the  Beaver  Kill,  in  the  Catskill  Mts.,  N.  Y.  The  extent  of 
these  dams  is  shown  in  Fig.  2.  '  .:  .i 

Some  of  the  cblistructien  qiiantities  involved  were: 

Earth  excavation,  cu.  yds '.... ■...l-. 2,066,000 

Rock  epccavation,,  cu.   yds,......, 426,000,.,    , 

Earth  and  rock  embankment,  cuV  yds 7,266,000 

Portland    cement,    bbls.i: j.. 1,100,000 

■/    ,;  Concrete  jnasonry,   cu.  yds. 832,000' 

Paving  and  riprap,  cu.  yds 105,000' 

Metal   wbrk,    tons ; 914 

Clearing,    acres    ,., 200 

Vitrified  drain  tile,  lin.,  ft.. . ..  1 21,600' 

'    '-■     Crushed  stone  (not'in  masonry),   cu.  yds..  ..,',>.-. j....       11,000  i\"  .'\ 

,_    ,.;   Timber  and  lumber,,  bpl,.  ft r^.^.,.,..,.j^... .     SoO.QOO 

Stream  control  of  the  Esopus  and  Beaver  Kill.         - :-       -  ^ 


DESIGI?.  AND  .G0M8TRUCT10N  OF.  EAETH  DAMS       1155 

Each  ei)d  of.  Olive  Bridge  dam  terminates  in  a  dike  .knqwB  here 
as  the  npr£ti.,an,d,  south  wings.  The.oth^r  dikes  are  the  east, and 
middle  west  dikes,  as  shown  in  Fig,  2.  The  entire  area  o^ithe 
surface  which  the  dike  will  cover  i  is  first  stripped  of  all  surface 
soil  and  vegetable  matter.  .  A  vertical ,  trench  is  then  excayated 


Fig.  2.    Map  of;  M3,in  Dams,  Ashbkan  Reservoir. 

to  rock.  A  concrete  core  wall  is  then  built  in  the  trench,  the 
average  width  of  which  is  about  10  ft.  at  th^  bottom  and  4  ft. 
on  top.  After  the  forms  are  removed  the  space  between  the  con- 
crete and  the  original  earth  is  filled  with  clay  and  tamped  to  the 
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Fig.  3.     Cross-Sectio«,of  South  Wing,  Olive  Bridge  Dam. 

.original  surface  of  the  ground.:  At  this  ■  point  the  embankment 
proper  is  started  by  spreading  layers  of  earth  4  ins.  thick  on  the 
water  side  and  6. ins.  thjoki  onuthe,  dry  side  .of  the  dike.  These 
layers  are  then  rolled -with  ISiton  MonarcH,  and  Kelley  Steam 
roljers.  ,  The  rollers  are  of  special  ideSigBj  hafing  an  unusually 
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high  horsepower  for  their  weight.    The  embankments  have  slopes 
of  1  on  2  above  water  l^vel  and  1  on  2i/^  below  water.     These 
slopes    are,    however,    covered    with    "  Class    C "    rubble    riprap. 
Above  water  line  the  slope  is  surfaced  with  top  soil  and  grassed. 
Material  was  hauled^ to   the   embankments   in   cars   and  was 
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Fig.  4.     Earth  Section,  Dividing  Weir  Dam. 

spread  in  layers  1%  times  as  thick  as  the  required  layer  and 
was  then  rolled  down.  Spreading  was  done  largely  by  hand  and 
all  stones  too  large  for  rolling  into  the  layers  was  picked  out 
and  used  for  "  Class  C  "  riprap. 

The  Lahontan  Dam.  This  dam  for  the  Truckee-Carson  Irriga- 
tion Project  is  founded  on  an  unsatisfactory  base.  Water-bearing 
passages  of  small  or  moderate  capacity  are  of  frequent  occurrence 

Gravel  and  si  If  meckanicaf/y 
mixed  in  eol/al  paHs^rreifea-^ 
and  rolled  in  ^'layers  \ 
V.4l7-t      '' 


Seamy  and  lauHed 
rvd  sandsloneorlmxl 
sipne''ga)dlrfgi  to 
clay  in  right  bank 
of  river  and  having 
numeroia  water 
bearing  fissures 


'  20 gag^^lv.  pipe,  slip  Jx'nk 
-i  Core  drill hole^average  diam.}i' 
^Bored  and  Grouted 

Fig.  5.     Section  Through  Lahontan  Dam. 


in  the  bed  rock.    The  treatment  of  this  foundation  with  grouting 
from  drill  holes  is  described  in  Engineermg  News,  Apr.  3,  1913. 

Much  study  was  given  to  the  character  of  structure  which 
could  safely  be  built  on  this  foundation  to  withstand  a  reservoir 
head  of  120  ft.    The  original  proposal  of  a  gravity  masonry  dam 
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was  abandoned,  and  finally  the  embankment  -type  with  deep  eut- 
oflf  wall  was  adopted,  as  illustrated  in  cross-section  in  ITig.  5. 

Bams  for  the  Forte  Rico  Irrigation  Service.  These  are  de- 
scribed in  Engineering  and  Contracting,  Jan.  19,  1910,  and  June 
22,  1910.     From  these  articles  Figs.  6  to  8  are  taken. 


Fig.  6. 
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Fig.  7.     Earth  Dam  at  Guyama. 
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Fig.  8.     Earth  Dam  at  Villaba. 

The  Patillas  Dam  comprises  some  950,000  cu.  yds.  excavation 
and  fill  for  dam,  spillway,  tunnel,  etc.  The  Caute,  located  near 
Guyama,  requires  196,200  cu.  yds. 

Dams  for  Miami  Valley  Flood  Protection.  Engineering  News, 
Jan.  25,  1917,  describes  in  detail  the  design  of  earth  dams  and 
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tlieir  appurtenances  which  are  to  be  used  in  protecting  the  Miami 
Valley  in  Ohioj  against  flo,ods.  ;  The  engineers  aimed  at  ample 
safety  of  the  structures,  and  definite  kno\vledge  with  respect  to 
all  conditions  of  service  and  operation.  This  i§,  shown  by  the 
adopted  dam, section,  Eig.  9. 

Construction  of  an  embankment  either  by  roller  compacting 
(in  layers)  or  by  hydraulic  deposition  was  decided  to  meet  all 
requirements,  without  lining  or  core  wall.  A  cutoff  trench  to 
go  down  30  ft.  or  so,  well  below  the  surface  layers,  will  be  used. 

The  section  adopted  is  distinctly  more  ample  than  that  of  the 
latest  and  strongest  existing  dams  on  tight  or  ^  semi-permeable 
foimdations  —  though,  of  course,  not  comparable  with  the  Wa- 
chusett  or  Gatun  type.  It  is  proportioned  for  specially  wide 
base.  The  features  are- frequent  berms,  concaved  sides  and  sym- 
metrical outline;   that  is,  upstream  and  downstream  faces  alike 
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Fig.,  9,    Typical  CrpsSj  Seption,  of , Miami  Conservancy  Dams 


(because  these  are  dry  dams).  Compared  with  the  standard 
embankments  of  the  Board  of  Water  Supply  of  New  York  City, 
the  upper  berm-is  nearer  the  top  and  the  slopes  flatten  out  more 
toward  the  bottom,  to  a  maximuin  of  4  to  1.  Toe  protection  of 
brokeh"  stone  sloped  10  to  1  may  be  added  if  found  convenient  or 
desirable. . 

Thej^lopes  are  to  be  grassedj  top  soil  being  placed  on  the  em- 
bankment for  this  purpose. 

Slope  drainage  (for  surface  water)  is  accomplished  by  paved 
berm  gutters  and  connecting  gutters  down  the  slopes.  The  chance 
of  deterioration  from  settlement-  or- any  other  cause  is  held  to  be 
vanishingly  small  with  gutters,  as  compared  with  buried  pipes. 

The  cutoff  trench  is  indicated  in  Fig.  9,  although  local  condi- 
tions will  ■  determine  its  depth.  It  is  intended  mainly  to  give 
most  intiifiate  connection  between  the  impervious  dam  core  and 
the  subsoil,  and  thereby  prevent  seepage  along  the  base.  In  all 
cases  the  dams  will  be  built  on  ground  stripped  of  top  soil.  The 
subsoil  contains  ,yery  little  bedded  porous  material,  so  far  as  the 
borings  and  test  pitsi  revealed;  in  the  process  of  making  wash 
borings,  the  pipe  lost  its  water  only  rarely.  Geological  indica- 
tions are  tha,t,  any  porous  deiposits  are  local;  ,that  is,  have  little' 
.toorizontal  extent,     It  is  also  important  to  recall  that  underv?ash- 


DESIGN  AND  CONSTRUCTION  0¥  EARTH  DAMS       1150 

ing  of  a  dam  is  a  slow 'process,  while  here  the  water  will  never 
stand  behind  the  dam- more  than  a  ahort  time. 

A  Dam  Built  Partly  of  Cinders.  Harrison  Sbuder,  in  Proc.  Am. 
Soe.  C.  E.,  Vol,  XL,  describes  the  Hinckston  Run  dam,  built  in 
1901  at  Johnstown,  Pa.  Founda;tion  difficulties,  which  were 
treated  by  iiijection  of  gfoiit,  are  the  subject  of  Mr.  Sotider's 
paper. 

The  original  Hinckston  Run  project  called  for  an  earth  dam, 
60  ft.  high,'  to  retain  some  400,000,000  gals,  of  water,  with  a  depth 
of  45  ft.  at  the  breaSt.  The  intention  was  to  build  a  dam  with  a 
clay  core,  but,  as  an  unlimited  quantity  of  cinder  from  the  steel 
plant  was  available,  it  was  decided,  after  the  work  was  started, 
to  use  this  as  backing  for  the  dam,  in  place  of  earth,  and  even- 
tually to  fill  the  whole  valley  below  with  this  material,  thus  ren- 
dering the  structure  practically  unbreakable.  In  view  of  this 
and  the  additional  expense  incurred  in  making  the  cut-off  tight. 
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Fig.  10.     Maximum  Cross-Section,  Hinckston  Run  Dam. 

the  proposed  height  of  the  dam  was  increased  to  80  ft.,  and  later 
to  85  ft.,  above  the  original  creek  level.  This  gave  a  total  maxi- 
mum l\eight  above  the  bottom  of  the  core-wall  ditch  of  112:8  ft., 
a  depth  of  water  at  the  breast  of  73%'  ft.,  and  a  capacity  of 
1^00,000,000  gals.  The  lake  thus  formed  is  lYi  miles  long.  The 
water-shed  above  the  dam  is.  10.75  sq.  miles. 

The  cross-section  of  the  dam  as  built  is 'shown  by  Fig.  10.  The 
lower  inner  slope  is  1  on  2^4,  with  4  ft.  of  puddle  and  24  ins.  of 
cinder  riprap.  The  slope  above  the  berm  is  1  on  1%  with  puddle 
lining  diminishing  to  2  ft.  thick  at  the  top.  The  facing  is  hand- 
laid  stone  paving.  The  puddle  wall  is  16  ft.  thick  at  the  top  of 
T;he  concrete  core-wall,  and  diminishes  to  4  ft.  at  the  top  of  the 
dam. 

'Hydraulic-Pill  Dam  Built  of  lava.  J.  W.  fewaren,  in  Bngi- 
neering  News,  Mar.  29,  1917,  gives  the  following: 

A  eoreless  earth  dam  has  been  built  by  the  Lewiston-Sweet- 
water  Irrigating  Co.,  in  western  Idaho,  where  the  only  available 
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soil  was  lava  ash  and  weathered  lava.  In  spite  of  the  nature  of 
the  material,  the  maximum  seepage  is  small. 

The  dam  at  present  is  442  ft.  wide  on  the  base,  54  ft.  high,  and 
1,550  ft.  long.  It  is  designed  for -an  ultimate  height  of  85  ft.  and 
a  crest  length  of  3,600  ft.  Its  present  storage'  capacity  is  2,466 
acre^feet;  when  completed,  its  capacity  will  be  6,682  acre-feet. 
The  upstream  face  has  a  slope  of  1  on  3,  while  a  slope  of  1  on  2 
is  given  the  downstream  face.  At  the  point  selected  for  the  dam 
the  profile  of  the  ground  surface  is  rather  uneven;  upstream  a 
fill,  of  9  ft.  was  necessary  to  bring  the  prism  to  -the  grade  of  the 
axis.  A  puddle  trench,  8  ft.  de.ep  and  10  ft.  wide,  is  placed  along 
the  axis. 

Construction  began  in  1906.  The ,  surf  ace  of  the  ground  was 
stripped  and  scarified.    During  the  spring  months  a  dike  along 
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the  -upstream  toe  (A,  Fig.  11)  was  raised  about  34  ft.  The 
earth  was  placed  in  6-in.  layers  by  wheeled  scrapers,  sprinkled, 
rolled  and -harrowed.  During  the  summer  months  a  similar  dike 
(B )  was  built  along  the  downstream  toe.  The  material  for  this 
dike  was  dumped  dry  from  a  trestle.  So  far  as  possible,  all  ma- 
terial composing  the  dam  prism  has  been  taken  from  borrow  pits 
inside  the  flooded  area,  in  ordter  to  increase  storage  capacity. 
Puddle  clay  for  sealing  the  toe  was  obtained  from  a  small  deposit 
near  the  north  end. 

While  the  dike  along  the  downstream  toe  was  being  built,  water 
for  the  irrigation  season  of  1906  was  stored  behind  the  upstream 
dike.  During  the  fall  and  winter  of  1906  and  the  spring  of  1907 
the  prism  (C)  between  these  dikes  was  filled  by  a  unique  com- 
bination of  water  settling  and  dump-cars.  Water  from  the  main 
canal  was  conducted  into  the  area  between  the  upstream  and  the 
downstream  dikes.     Earth  was  dumped  into  this  water  from  cars 
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running  on  rails  laid  along  the  top  of  the  upstream  dike,  the 
water  in  the  pond  between  the  dikes  settling  the  earth  firmly 
and  at  minimum  cost. 

\Yater  was  stored  and  used  for  the  irrigation  season  of  1907 ; 
and  no  additional  work  was  done  on  the  dam  until  September, 
when  a  second  dike  (D)  was  made  on  the  downstream  toe,  with 
its  base  on  top  of  the  fill  already  in  place.  The  material  was 
dumped  from  cars  on  a  trestle  and  settled  by  water  from  a  1%-in. 
hose. 

Additional  land  coming  under  irrigation,  a  larger  storage  was 
required.  Financial  conditions  were  unsettled  at  this  time,  and 
completion  of  the  dam  was  out  of  the  question.  As  the  cheapest' 
method  of  securing  the  desired  capacity,  a  dike  {E)  was  built  on 
the  upstream  toe,  with  its  base  on  the  fill  already  in  place.  This 
was  built  by  dumping  from  cars  on  a  track  laid  along  the  center 
of  the  All;  the  earth  was  moved  both  ways  by  scrapers.  This 
work  was  stopped  at  El.  1814,  providing  for  a  total  storage  of 
2,466  acre-feet,  with  water  level  at  El.  1810. 

The  inner  face  of  the  dam  displays  the  effect  of  wave  action, 
each  day's  draw-down  showing  clearly  in  a  little  bench  washed 
out  of  the  fill.  As  the  line  of  saturation  is  rather  flat  and  shifts 
rapidly,  the  maximum  storage  is  not  made  until  the  last  snow 
run-off.  The  first  irrigation  period,  closely  following,  draws  down 
the  water  level  well  below  the  saturation  line.  During  high  water 
in  the  reservoir,  careful  watch  is  kept  on  a  line  of  test  pits  along 
the  dovpustream  toe  of  the  dike. 

Drainage  at  the  downstream  toe  is  carefully  developed,  and  no 
waterlogging  of  the  prism  occurs.  At  high-water  period  this 
drainage  is  0.033  sec.-ft.  After  the  close  of  the  irrigating  season, 
with  the  water  at  the  level  of  the  outlet  pipe,  drainage  is  only  1 
cu.  ft.  in  29  min.,  indicating  that  in  spite  of  unfavorable  mate- 
rials an  excellent  bond  has  been  made  between  the  dam  and  the 
original  ground. 

'  A  Reservoir  Embankment  with  Concrete  Slope.  This  work  is 
described  by  J.  C.  Ulrich,  Proc.  Am.  Soc.  C.  E.,  Vol.  XXXIX,  and 
abstracted  in  Engineering  and  Contracting,  June  11,  1912.  The 
embankment,  which  is  about  3%  miles  long,  forms  about  one-third 
the  perirtieter  of  the  Prewitt  Reservoir  in  the  South  Piatt  River 
Valley  in  Colorado.  It  has  a  maximum  height  of  36  ft.  for  about 
100  ft.,  with  a  height  not  exceeding  25  ft.  for  the  greater'  portion 
of  its  length  and  an  average  height  of  20  ft.     See  Fig.  12. 

The  material  on  which  the  embankment  is  founded,  and  of 
which  it  is  constructed,  consists  of  very  fine  sand  mixed  with  a 
small  percentage  of  soil. 

Before  depositing  any  earth  for  the  embankment  proper,  the 
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intercepting  trench  was  partly  filled  with  water,  in  which  selected 
material  was  deposited  in  2-ft.  layers.  This  ,operation  was  re- 
peated three  times  in  the  filling  of  the  trench.  The  water  for 
this  purpose  was  pumped  from  a  series  of  16  wells,  put  down  Just 
outgide  of  the  lower  toe  of  the  einbankment,  at  i,ntervals  oif  about 
1,000  ft!  Sufficient  water  was  thus  furnished  and  used  to  effect, 
not  mejrely  the  moistening,  but  the  actual  puddling,  of  the  mate- 
rial deposited  in  the  trendh. 

Tjie  purpose  of  this  puddled  trench  was  to  break  the  continuity 
of  ?jiy  seam  which  there  might  be  between  the  soil  of  the  site  and 
the  material  of  the  superimposed  embankment.  It  was  also  de- 
signed to  cut  off  and  intercept  the  channels  of  any  dog  or  gopher 
holes  which  might  be,  in  the  jpia,terial  underlying  the  emb?ink- 
ment. 

After  the  trench  had  been  filled,,  and  the  site  had  been  cleared 
of  all  vege^table  matter  and  plowed  to  a  depth  of  10  ins.,  the  con- 
struction of  the  embankment  proper  was  begun. 


Fig.  12.     Typical  Section  of  Prewitt  Reservoir  Embankment. 

The  earth  was  deposited  in  layers  Mot  exceeding  1  ft.  in  thick- 
ness. Each  layer  was  then  thoroughly  wetted,  before  the  deposi- 
tion of  the  next,  with  water  pumped  from  the  wells.  Then.it  was 
rolled  with  a  corrugated  roller  weighing  125  lbs.  per  in.  of  length. 
This  operation  was  repeatijd  successively  until  the  full  height  of 
the  embankment  was  reached.  The  wetting  of  this  material  prior 
to- each  rolling  resulted  in  the  actual  wetting  of  the  whole  layer, 
not  the  mere  .moistening  of  "the  surface.  The  contractors  kept 
records  of  their  pumping  operations,  and  these  disclose  the  fact 
that  tlie  volume  of  water  pumped  into  the  material  exceeded  that 
of  the  embankment  itself;  in  other  words,  the  volume  of  water 
put  into  the  embankment  exceeded  that  of  the  earth. 

The  water  side  of  the  embankment  is  protected  against  wave 
action  by  a  covering  of  concrete,  4  ins.  thick,  extending  from  its 
foot  to  within  2  ft.  of  its  top,  where  it  joints  an  L-shaped  vertical 
parapet  wall  of  reinforced  concrete. 

At  the  foot  of  the  surface  protection,  and  connected  therewith 
by  reinforcing  rods  of  steel,  there  is  a  reinforced  vertical  "  toe- 
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wall,"  extending  5  ft.  into  the  ground  below  the  edge  of  the  latter. 

The  concrete  slope  is  laid  in  slabs  10  ft.  wide;  Beneatli  the 
slabs  and  along  the  joints  are  reinforced  concrete  stringers,  6x12 
ins. 

Small  Earth  Sams  for  Stock  Watering  ReserToirs.  Many  of 
these  dam^  have  been  built  by  the  Chicago  and  Northwestern  Ey. 
between  its  terminals  and  the  rahges  in  Dakota  and  Wyoming. 
According  to  Engineering  and  Contracting,  Sept.'  20,  191i;  these 
dams  were  built  of  natural  prairie  soil  with  teams  and  sorapsrs 
at  an  average  contract  price  of  15  cts.  per  cu.  yd.  Cenerally 
they  are  not  over  15  or  16  ft.  high,  Ihe  maximum  being  24'  ft. 
The  cost  per  acre-ft.  of  writer  impounded  ranged  ,from  $6.82  for 
a  reservoir  holding  186.1  acre-ft.  to  $72.40  for  one  holding  9,3 
acre-ft. 

A  feature  of  these  dams  is  a  wave  fence,  built  the  full  length 


Fig.  13^    Cross  Section  ofi  Earth  Dam  Showing  Wave  Fencej  > 

of  the  slope  that  is  rea-ehed  by  water  when  the  reservoir  is  full, 
it  is  intended  to  prevent  wave  erosion.  See  Fig.  13.  A  typical 
dam  contains  100  acre-ft.,  has  a  top  length  of  260  ft.,  amaixii- 
mum  height  of  14  ft.,  and  costs  $2^300.  •; 

Determining  the  Percolation  Factor.  A.  M.  MoPherson  re- 
commends the  following  method  of  procedure  -in  a  paper  in 
Engineering  and  Contracting,  July  5,  1911  i  A.  uniform  sample 
of  the  material  to  be  used  in  the  construction  of  the  dam. should 
be  taken.  It  should  be  thoroughly  mixed  ^O' as  to  resemble  as 
nearly  as  possible  the  material  as  it  would  be  placed  in  the  dam'. 
Thja  material  should  then  be  placed  in  a  tank  which  has, been 
constructed  for  the  purpose.  A  tank  4  ft.  wide,. 4  ft.  deep,  and 
22  ft.  long  is  large  enough,  to  give  satisfactory  results.-  A 
miniature  dam  is  then  constructed  upon  the  profile  which  has 
been  tentatively  decided  upon,  say  3-1  on  the  inside  or  water 
face,  and  2t1  on  the  dry  face.  The  eai?th  should  be  tamped  in, 
moistened  slightly,  and  made  as  compact  ad  possible.  Pieces  lof 
gas  pipe  w-ith  holes  bored  along  their  sides  and '  covered .  #ith 
pieces   of   wire  netting,   should   be   sunk   at  _  intervals   of   about 
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a  foot,  beginning  at  the  axis  of  the  dam  and  extending  on 
through  the  dry  face.  Water  is  then  admitted  on  the  3-1  side  to 
■  a  level  proportionate  to  the  heighth  of  the  dam,  and  is  kept  at 
this  mark  until  'water  remains  at  a  constant  level  in  the  pipes 
sunk  in  the  lower  side  of  the  dam.  This  will  probably  cover  a 
period  of  several  weeks.  The  depth  of  the  water  in  the  pipes 
is  generally  determined  by  means  of  a  measuring  rod.  Taking 
the  difference  in  depth  of  the  water  in  the  various  pipes  and 
knowing  their  distance  apart,  the  angle  of  saturation  is  easily 
calculated. 

The  angle  of  repose  is  obtained  by  trying  successive  slopes  to 
determine  how  steep  a  slope  the  material  will  stand  when  subject 
to  water.  This  test  should  be  supplemented  by  another.  Have 
the  tank  full  and  suddenly  let  the  water  out  a,nd  note  the  be- 
havior of  the  material.  Often  this  will  show  what  was  sup- 
posedly a  safe  slope  is  too  steep,  as  slips  will  occur  as  the  water 
is  being  let  out  of  the  tank.  It  is  well  after  these  tests  have 
been  made  to  let  the  material  dry  out  and  notice  whether  it  cracks 
or  shrinks  badly.  If  the  material  in  the  miniature  dam  does 
not  answer  satisfactorily  to  all  the  tests  imposed,  it  should  be 
discarded  and  some  other  material  tester,  or  a  mixture  of  the 
material  in  question  and  some  other  should  be  tried. 

Shrinkage  of  Earth  in  a  Dam.  R.  M.  Hosea  in  Engineering  and 
Contracting,  Apr.  1,  1908,  gives  the  following  data  on  the  con- 
struction of  a  dam  for  the  Sugar  Loaf  Reservoir  in  Colorado : 
The  entire  area  of  the  dam  site  was  overgrown  with  willows  and 
some  trees,  and  in  the  lowest  portion  was  covered  with,l  to  2  ft. 
of  black  muck.  All  of  this  was  moved;  giving  a  firm  clay  founda- 
tion for  the  earth  work.  The  surface  was  benched  and  fur- 
rowed. Borrow  pits  were  laid  out  on  the  inside  of  the  reservoir 
site  over  a  large  area  and  stripped  of  all  vegetable  matter,  ex- 
posing the  clay  sand  mixture,  containing  some  boulders,  beneath 
which  was  a  clay  sheet  four  or  more  ft.  thick.  The  cross  sec- 
tion of  the  reservoir  dike  was  about  200  ft.  on  the  base,  25  ft. 
on  the  topr  with  a  height  of  about  40  ft.  The  inner  slope  was 
3  to  1,  while  the  down  stream  was  2  to  1. 

The  base  was  made  of  moist  clay  and  well  puddled.  Around 
all  pipes  and  masonry  this  clay  was  placed  by  hand  and  tamped. 
The  up  stream  face  was  made  for  a  thickness  of  20  ft.  of  the 
best  clay  obtainable,  the  center  of  the  dike  prism  being  of  se- 
lected material,  while  the  poorest  material  was  all  placed  in  the 
down  stream  face.  The  dam  was  carried  up  in  thin  layers.  The 
whole  was  smoothed,  sprinkled  and  rolled  with  a  heavy  steam 
roller.  The  formation  of  layers  was  carefully  avoided  by  de- 
positing loads  irregularly. 
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Eleva,ting  graders ;  were  tjled  for  a  timej  but  tljte  preaenqe  of 
boulders  made  their, use  inadvisable,  consequently  a  small  steam 
shovel  was  used  to  load  into  wagons,  the  material  being  de- 
posited, in  that  manner. 

There  were  95,388  cu.  yds.  of  earth  excavif,led  for  the  dam 
prism,  while  the  actual  cross  section  of  the  dam  showed  90,200 
cu,  yds.  The  dam  remained  partly  completed  through  one  win- 
ter, which  gave  the  embankment  a  chance  to  become  compacted. 
Throughout  the  entire  work  it  was  sprinkled  and  rolled.  These 
figures  show  a  shrinkage  during  construction  of  5.44%.  Mr. 
Hosea  does  not  state  that  any  tests  have  been  made  to  show 
settlement  of  the  dike  since  the  reservoir  has  been  in  use. 

See  Chapter  I  for  data  on  earth  shrinkage. 

The  Tabeaud  Dam  and  Its  Cost.  The  Tabeaud  Dam  is  de- 
scribed by  Burr  Bassell  in  Engineering  News,  July  10,  1902. 
Mr.  Bassell  is  also. author  of  a  book  on  this  dam. 

The  Tabeaud  Dam  was  built  in  1900  and  1901  by  the  Standard 
Electric  Co.  of  California  as  part  of  a  hydro-electric  development. 

3 


Fig.  14.     Section  of  Tabeaud  Dam. 

It  is  located  about  3  miles  from  Jackson  in  Amador  County  Calir 
fornia.  The  crest  of  this  dam  is  123  ft.  above  the  natural  sur- 
face of  the  ground  at  the  foot  of  the  lower  slope,  and  120  ft. 
above  rook  vertically  beneath  the  crest.     See  Fig.  14. 

The  dam  has  a  crest  length  of  636  ft.  and  varies  from  50  to 
100  ft.  in  length  at  the  base.  It  is  20  ft.  wide  at  the  top  and 
620  ft.  wide  at  the  bottom.  The  total  volume  of  the, structure  is 
370,350  cu.  yds.,  and  its  weight  is  about  665,000  tons.  The  dam 
was  designed  to  have  a  puddle  heart-wall  for  its  whole  length,  8 
ft.  thick  at  the  top  and  increasing  in  thickness  towards  thp  bot- 
tom. A  portion  of,  this  was  built,  but  it  was  discontinued  after 
it  had  reached  a  height  of ■  24  ft. 

Foundation  Drainage.  Most  of  the  dam  rests  on  firm  hardpan 
and  the  balance  on  rock.  The  excavation  extended  to  rock  be- 
nearth  both  the  axis  of  the  dam  and  near  the  foot  of  the  inner 
slope  where  the  puddle  face  wall  abtitted  against  the  hillsides. 
Nejarly  all  the  bedrock  is  of  slate,  with  a  dip  of  some  40°  up- 
stream and  a  strike  of  15°  with  the  center  line  of  the  dam.  About 
150  -ft.  above  the  center  line  a  quartz  vein  crosses  the  valley,  on 
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the'iine,  P' B  T.  Between  this  line  and  the' longitudinal  axis  .the 
rock'' was  satisfadtoi-y,  but  above  the  qilaftz  vein  fissures'  tod 
springs  were  found. 

To  remove  this  spring  water  and  to  intercept  seepage  beneath 
the  whqle  length  of  the  damj  a  system  of  bed  rock  drainage:  was 
constructed.  Water  frqm  the  springs  is  led  to  a  central  point  in 
trenches' in  the  bed  rock.  The  bottoms  oi  thpse  trenches  were 
leved  with  concrete '  over  which  was  pUced  ari  inverted  V-ilume, 
Figj  15.  From  the  central  collecting  point  water  is  lead  through 
a  2-iii.  pipe  which  is  covered  with  "an  inverted  V-flume    (angle 
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"    Fig.  15.'  Details  of  Foundation  Draiinage. 

iron).  This  pipe  CEtrries  it  dovshi  stream  to  the  beginning  of  the 
bed'-rock '  drain.  The  inverted  flumes  of  angle  irotl  were  covered 
with  Concrete  which  in  turn  was  covered  with  clay  puddle. 

The  hill  side  drains  were  located  approximately  parallel  with 
and  8  ft.  below  the  longitoidinal  axis  of  the  dam,  anil  were  carried 
to  Elev.  1,250.  The  trench  ranged  in'  width  froin  5  to  10  ft.  and 
extended  varyiHg  distances  into  the  roCk,  according  to  the  charac- 
ter of  the  latter.  The  stringers  and  capstones  of  these  drains 
were  carefully  selected  and  laid.  All  crevices  were  then-'BlWd 
with  'spalls  and  a  covering  of  1  to  3-in.  bfokert  stone  from  the 
tunnel  dump  was  put  on  to  a  depth  of  18  ins.  Above  the  stone 
the  trenches  were  refilled  with  choice  thoroughly  puddled  clay. 

Observations  at  a  small  weir  at  the  outlet  of  the'  drain  indi- 
cate a  quite  constant  seepage  of  about  13  gals',  per  min.  The 
inaximum  discharge  has  been  180  gals,  per  min,  during  a  heavy 
rainstorm,  '       ;  .   ! 
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Building  the  Embankment.  The  material  for  the  dam  was  all 
obtained  close  at  hand.  Tlie  earth  was  taken 'from  borrow  pits 
within  the  reserypir  basjn  at  the  sides  of  the  reservoir  and  at  the 
ends  of  the  dam.  Most  oif  the  rock-fill  facing  came  from  the  tun- 
nel duihp  and  the  balance  from  quarries  in  a  ravine  to  the  south 
of  the  dam.  It  was  hauled  in  carts  and  stick-wagons.  The 
company  built,  only  40,000  of  the  370,350  cu.  yds.  of  the,  bulk 
of  the  dam.  It  had  a  small  stearn  ahoyel  and  some  cars  on  tlje 
ground,  but  the  extent  to  which  it  used' these  is  no^  stated.,       " 

The  contractor  used  a  larger  steam  shovel,  of  1%  cu.  yds. 
capacity,  for  about  a  month,  but  ii  mixed  so  much  stone  witb 
the  dirt  that  the  engineer  wa?  hot  satisfied  with  it.  The  con 
tractor  usedfr^sno  scrapers  to  bring  the  earth  from  the  borrow 
pits  to  a  loading  platform,  or  trap,  consisting  of  a  timber  plat- 
form with  a  hole  about  20  by  40  ins.,  through  which  the  wagons 
were  filled.  With  good  material,  8  of  these  scrapers  could  fill 
25  bottom  dump  wagons  per  hr.,  each  wagon  having  a  capacity 
of  3  cu.  yds.  The, average  haul  for  the  entire , earth  work  was 
one-fourth  mile. 

The  m,a?:i,mum  equipment  of  the  contractor  was  as  follows: 
One.  11^^  yd.  steam  shovel;  37  dump  wagons;  ,11  rock  ,w£igons  and 
carts;  39  fresno^, scrapers;  21  wheel  scrapers;  8  road  and  hill 
side' plows;  3  road  graders;  3  sprinkling  wagons;,  2  harrows;  2 
rollers  (5  and  8  ton)  ;.  233  men;.  416  horses  and  mules,,  The 
wteel  scrapers  were  not  used.   .  ,,    .    ^  ,  ,i  , 

The  stripped  surf^q^s  were.- we^.  by  means  qf  hose  and  nozzles 
before  the  embankment  was  started.  The  eart^  was  dumped  in 
rows,  generally  parallel  with  the  longitudinal  aj^is  of  the  dain^ 
and  ranged  ,^i0m,  the  ,a,xls  toward  the  slopes.  At,  the  ends  of 
the  dam  a  few  rows  were  frequently  made  parallej  to  the  inter- 
section of  the  embankment  and  the  hill  side.  .The  best  material 
was  placed  at  the  ends  and  on  the  up  stream  half  of  the  dam. 
The  top  surfa,ce  was  kept  t^asin-shaped,  giving  a  slope  of  about  1 
on  25  from  the  sides  to;  the  center.,  The  puddle  heart-yi'all  was  dis- 
contini(ed,  at  elev,,  1,160  and  mor,e  attention  given  thereafter  to 
puddle  on  the,  inner  face.  .  Tfeis,  change  from  the  original  plan 
was  madCi  by  Mr.  Bassell^  soon  af ,ter  .thei  contractor  started  work, 
because  of  ,the  character  ,o^  material  available,  and  the  excellent, 
results;  obtained  in  securing  an  homogeneous  earthen  mass,  prac- 
tically impervious.  Besides,  the  central  puddle  wall  would  have 
greatly  interfered  with  the  progress  of  the  work  and  delayed 
the  completion  of  the  ^ajp.. .  :  - 

The  cen,tral  section  of  the  embankment,  however,  received  more 
water  than  pther  portions  ■which  were  not,  strictly  puddle,  on  ac- 
count of  the  .bq,£|in  shape  and  manner  of  ^yetting,     Any  excess  of 
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water  in  this  portion  would  be  readily  taken  care  of  by  the  cross- 
drains. 

The  contract  specifications  provided  that  the  puddling  material 
should  contain  about  70%  of  clay  and  about  30%  of  gravel  less 
than  2  ins.  in  diameter. 

Rock-pickers  and  carts  followed  the  dumping  wagons,  remov- 
ing all  roots  and  stones  which  would  not  pass  through  a  4-in. 
ring.  The  specifications  provided  that  no  stone  weighing  over  5 
lbs.  should  be  allowed  in  the  dam,  and  that  "  layers  of  rocky 
material  must  alternate  with  layers  comparatively  free  from 
rock."  All  the  waste  was  dumped  outside  the  slope  line,  after 
which  the  roots  were  burned. 

Six-horse  road-graders  leveled  down  the  rows  of  dirt  and  were 
followed,  in  turn,  by  harrows  and  rollers,  with  sprinklers  in- 
terspersed, as  was  found  necessary.  By  properly  spacing  the  dirt 
loads  and  rows,  layers  of  any  desired  thickness  could  be  secured, 
while  the  graders  made  as  smooth  and  uniformly  thick  a  layer 
as  could  be  asked.  If  the  material  was  dry,  it  was  sprinkled  as 
soon  as  the  graders  had  given  it  a  general  leveling;  otherwise 
there  was  no  sprinkling  until  between  the  harrowing  and  rolling, 
and  some  of  the  time  none  was  necessary  then.  The  previous 
layer,  however,  was  always  sprinkled  before  a  new  one  was  added, 
and  hose  with  nozzles  were  almost  constantly  employed  for 
wetting  down  the  outer  slopes,  the  stripped  hillsides  and  all  points 
which  the  wagons  could  not  reach. 

One  of  the  two  rollers  weighed  5  tons  and  had  a  60-in.  face, 
giving  166  lbs.  per  lin.  in.;  the  other  one  weighed  8  tons  and 
had  a  40-in.  face,  thus  giving  200  lbs.  per  in.  The  rollers  were 
not  grooved,  but  the  loaded  wagons  passing  over  the  layers  cut 
the  surface  to  a  greater  or  less  extent.  The  loaded  wagons 
weighed  over  6  toijs  apiece,  or  750  lbs.  per  lin.  in.  of  wheel  tread. 
They  were  made  to  travel  where  they  would  do  the  most  good, 
particularly  near  the  edge  of  the  inner  slope  and  along  the  ends 
of  the  embankment  where  it  joined  the  hillside.  Generally  the 
rollers  were  drawn  lengthwise  of  the  dam,  but  they  frequently 
went  crosswise  at  tjhe  ends  and  also  round  and  roimd  a  portion 
of  the  surface.  The  contract  specifications  stipulated  that  each 
100  cu.  yds.  of  material  should  be  rolled  1  hr.,  or  compressed 
to  an  equiyalent  amount  and  that  the  compression  shoiild  be 
sufficient  to  prevent  quaking  when  a  loaded  wagon  passed  over 
the  area. 

The  specifications  provided  that  for  the  first  60  ft.  the  layers 
should  not  exceed  6  ins.,  and  above  that  level  8  ins.  in  thickness. 
The  average  thickness  of  the  finished  layers  under  the  contract 
work  was  as  follows:     April,  4  in.;  May,  3%;  June,  4;  July,  4%; 
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August,  5;   September,  6;   October,  7;   November  and  December, 
8  ins. 

Tests  of  the  material  used  in  building  the  dam,  made  in  June 
and  Sept.,  1901,  showed  the  following  average  weights  of  1  cu.  ft. 
of  material  under  different  conditions:  Dust  dry  soil,  84  lbs.; 
fully  saturated,  101.7;  natural  bank,  116.5;  delivered  from  wag- 
ons, moist  and  loose,  76.6 ;  loose  dirt  from  dam,  shaken  down 
and  measure  struck,  80;  test  pits  in  dam,  133  lbs.  The  earth 
from  the  test  pits  in  the  dam  contained  38%  of  graver  and  grit. 
The  natural  soil  had  19%  of  moisture;  33%  of  water  had  to  be 
added  to  it  for  saturation.  Tlie  voids  were  52%  of  the  total. 
The  angle  of  repose  of  the  moist  earth  from  the  bank  was  44° ; 
of  dust  dry  dirt,  36%;  of  saturated  dirt,  23%.  The  outs  at  the 
borrow  had  vertical  sides. 

Cost  of  a  Dam  in  Utah.  An  earth  dam  for  the  mammoth 
Eeservois  in  San  Pete  County,  Utah,  is  described  by  J.  C.  Weelon 
in  Engineering  'Sews,  Oct.  15,  1914: 

The  dam  is  designed  to  be  125  ft.  in  height,  eventually,  and 
is  built  of  earth  on  both  sides  of  a  concrete  core  wall.  The  core 
has  buttresses  on  both  sides  opposite  each  other,  starting  20  ft. 
wide  at  bed  rock  and  tapering  on  a  batter  to  zero  at  the  top  of 
the  dam,  and  spaced  20  ft.  apart  along  the  wall.  The  dam  is 
being  built  only  so  fast  as  the  irrigation  demands  of  the  farming 
district  require;  it  has  been  six  years  under  construction;  and,  is 
now  at  the  67 -ft.  level.  Tlie  present  area  of  the  dam  covers  one- 
sixth  of  an  acre. 

The  first  work  on  the  earth  fill  was,  carried  to  the  15-ft.  level 
by  dump  wagons,  the  earth  being  rolled  with  a  corrugated  roller 
of  8  tons  weight,  drawn  by  four  horses.  The  next  25  ft.  was 
carried  on  by  water.  A  ditch  carried  water  along  the  brow  of 
the  hillside  150  ft.  higher  than  the  work.  Teams  and  plows 
would  make  furrows  straight  down  the  hill  slope  from  the  ditch 
to  the  work  level  on  the  dam.  A  small  quantity  of  water  re- 
leased from  the  ditch  into  the  furrow  washed  the  entire  furrow 
upon  the  dam,  while  the  teams  were  coming  back  up  the  hill  to^ 
engage  another  furrow.  The  fice  water  was  carried  off  the 
work  in  an  improvised  culvert  through  a  dike' at  the  extreme  up- 
and  down-stream  faces  of  the  dam,  which  was  carried  a  few 
feet  higher  than  the  puddled  «nd  thus  impounded  it.  This  method 
was  found  objectionable  because  the  heavy  and  coarser  material, 
weighing  2,100  lbs.  per  cu.  yd.,  dry,  would  repose  next  to  the  hill- 
side, wltile  the  very  fine  clay,  weighing  1,.500  lbs.  per  cu.  yd., 
dry,  would  carry  in  suspension  to  the  center  of  the  work.  It  was 
found  so  difficult  to  extract  the  water  from  this  fine  clay  that  the 
sluicing  process  was  abandoned  and  rock  and  gravel  were  thrown 
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into  this  puddled  and  bottomless  mass  from  the  edges  until  men 
and  teams  could  travel  over  it.  The  work  is  being  finished  by 
the  use  of  scrapers  and  wagons.  The  canon  slopes  are  covered 
with  a  soil  of  clay  and  fine  gravel  which  is  of  fine  quality  for 
use  in  the  construction  of  an  earth  dam. 

The  dam  is  being  built  without  any  modern  machinery,  except 
the  smallest  stream  concrete  mixer  made.  A  12-mile  dug-way 
through  a  precipitous  canon  renders  the  hauling  of  heavy  freight 
yery  difficult.  The  roller  was  cast  in  seven  sections  so  that,  with 
the  frame,  eight  loads  could  be  made  of  it. 

The  earth  fill  is  costing  38  cts.  per  cu.  yd.,  and  the  concrete 
$9.37  per  cu.  yd.     The  overhead  charges  are  nominal. 

Use  of  Goats  for  Compacting  Fuddle.  Work  on  an  earth  dam 
at  Santa  Fe,  N.  M.,  on  which  goats  were  used  for  compacting 
the   puddle,   is   described   in   Engineering   News,   Apr.    13,    1893. 

This  dam,  85  -ft.  high  and  over  1,000  ft.  long,  was  built  across 
the  Rito  de  Santa  Fe.  The  upper  half  of  the  dam  site  was  exca- 
vated to  rock,  and  the  rook  washed  with  water  by  means  of  hose. 
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Fig.  16.     Cross  Section  of  Dam  at  Sante  Fe,  N.  M. 


The  general  character  of  the  structure  is  shown  by  Fig.  16. 
The  triple  sheeting  inserted  in  and  carried  above  the  concrete 
trench  and  heart  walls  consists  of  three  thicknesses  of  1-in.  boards, 
nailed  together  horizontally. 

The  upper  half  of  the  dam  is  puddled  in  layers,  a  herd  of  115 
goats  having  been  bought  expressly  for  puddling..  These  goats 
are  in  charge  of  a  herder,  who  keeps  them  in  motion  when  on  the 
dahi,  which  is  stated  to  be  from  12  m.  to  1  p.  m.,  and  from  5  to 
6  p.  m.  each  day. 

In  commenting  on  this  , use  of  goats  in  a  subsequent  issue  of 
Engineering  News,  J.  M.  Howells,  who  was  on  the  work,  says: 

"  It  was  subsequently  found  that  as  the  travel  of  the  goats 
did  not  interfere  with  the  teams,  it  would  be  more  convenient  and 
economical  to  use  a  less  nuinber  of  goats  and  keep  them  at  work 
all  day.     As  a  result  of  our  experience,  we  find  that  115  goats 
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by  constant  use  would  do  weill  the  puddling  for  30  wheel  scrapers, 
averaging  about  14  cu.  ft.  per  load  on  about  500  ft.  haul. 

"  The  material  was  first  spread  while  dumping,  next  leVeled^ln 
a  3-in.  layer  by  dragging  a  beam,  next  sprinkled  with  a  sprinkling 
wagon,  and  then  puddled  by  the  goats.  The  puddling  wa^ 
thoroughly  done  in  this  way,  and  the  surface  left  just  rough 
enough  for  good  joint  with  the  next  layer. 

"  As  goats  in  this  arid  region  are  a  dry  hillside  animal,  I 
feared  such  a  radical  change  in  their  habits  as  keeping  their  feet 
muddy  all  day  would  bring  on  foot  disease.  No  lameness  had  ap- 
peared among  them  up  to  six  weeks  ago,  and  I  have  had  no  word 
of  any.  since;  it  seems  likely  their  hardiness  will  carry  them 
through. 

"  When  the  goats  were  first  put  to  work  they  tired  easily,  and 
were  able  to  stand  it  but  a  part  of  the  day;  we  learned  this 
was  upon  account  of  the  scanty  range  upon  which  they  had  fed, 
having  to  rely  mostly  upon  browsing  the  juniper  brush.  A  few 
days,  however,  of  feed  on  peas  and  refuse  hay  brought  back  their 
accustomed  good  spirits.  And,  after  their  day's  work  was  over, 
they  would  butt  each  other  around  the  corral  with  the  enjoy- 
ment characteristic  of  this  singularly  precocious  animal." 

A  Mechanical  Flock  of  Goats.  In  the  preceding  paragraph  the 
elBciency  of  the  goat  as  an  earth  compacting  device  is  praised. 
Several  years  ago  a  contractor  engaged  in  road  building  in  Cali- 
fornia learned  that  a  sheep's  feet  can  compact  loose  earth  so  hard 
that  a  pick-pointed  plow  will  loosen  it  with  great  difficulty.  He 
had  just  plowed  up  a  road  when  several  thousand  sheep  walked 
over  the  loosened  soil.  The  compacting  action  of  their  hoofs 
was  so  effective  that  he  said :  "  If  those  sheep  had  only  post- 
poned their  visit  a  few  hours  until  I  had  graded  the  earth,  I 
would  have  gladly  paid  their  owner  for  their  work."  Then  it 
suddenly  occurred  to  him  that  although  Ke  could  not  hire  sheep, 
he  might  invent  a  flock  of  them,  which  he  did.  He  made  a 
roller  with  projecting  lugs,  like  sheep's  feet,  and  used  it  for 
consolidating  subgrades  of  roads  and  streets.  It  is  probably 
the  most  efficient  device  available  for  compacting  earth  in  em- 
bankments. 

This  rolling  tamper,  or  tamping  roller,  is  made  by  W.  A.  Gil- 
lette, South  Pasadena,  Calif.  It  is  illustrated  in  Chapter  VI,  and 
its  use  for  reservoir  embankments  is  described  later  in  this  chap- 
ter. 

Earth  Dam  Compacted  by  Irrigation  Flooding.  Engineering 
and  Contracting,  July  18,  1917,  describes  the  cpnstruction  of  an 
earth  dam  for  Reeves  County  Irrigation  District  No.  1  iii  Texas. 
The  dam  contains  180,000  cu.  yds.  of  material  which  was  exca- 
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vated  from  the  bottom   of   the  reservoir   by   western   eleya-ting 
graiiers  i  and  hauled  to  place  in  western  dump  wagons. 

In  the  construction  of  the  dam  the  somewhat  unusual  method 
of  compacting  the  earthwork  by  irrigating  was  employed-  The 
distance  of  the  work  from-  the  nearest  source  of  water  supply  made 
it,  impracticable  to  follow  the  common  method  of  sprinkling  by 
wagons,  and  large  quantities  of  water  being  necessary  in  the 
work  of  puddling,  as  well  as  for  stocli  and  other  purposes,  it  was 
thought  best  to  provide  a  constant  supply.  This  was  provided 
by  means  of  a  small  ditch  nearly  3  miles  long,  diverted  high 
enough  to  carry  water  over  the  top  of  the  completed  dam.  ,. 


Pig.  17.    Method  of  Retaining  Water  in  Puddling. 

In  order  to  cut  oflf  a  gravel  stratum  at  the  dam  site  a  trench 
averaging  40  ft.  wide  at  the  top  and  from  5  ft.  to  15  ft.  wide 
at  the  bottom,  and  10  to  20  ft.  deep  was  excavated  to  rock  or 
clay  foundation.  This  was  filled  with  water  and  good  earth  ma- 
terial "Tjulldozed  "  in  from  the  end.  Over  this  puddled  trench  the 
dam,  which  is  47  ft.  high  and  2,500  ft.  long  was  built  in  3-ft. 
lifts.  Each  lift  or  layer  as  completed  was  bordered  and  cross- 
bordered  where  necessary,  and  flooded  with  water  as  shown  in 
Fig.  17.  This  water  was  allowed  to  stand  for  several  days,  the  in- 
tention being  to  permit  the  moisture  to  connect  with  that  of  the 
lift  next  below.  On  testing  out  these  lifts  with  a  post  hole  digger 
after  irrigation,  it  was  found  that  the  earth  was  well  compacted, 
and  a  very  complete  impervious  settlement'obtained  quickly.  This 
pocess  of  settling  and  compacting  the  material  was  continued  to 
the  very  top  of  the  dam. 
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Elevating  Graders  on  the  Stanley  Lake  Dam.  M.  E.  Witham, 
in  Engineering  Record,  Dec.  11,  1909,  gives  cost  data  on  the  use 
of  elevating  graders  and  dump  wagons  on  part  of  the  Stanley 
Lake  Dam.  This  dam  is  an  earth  embankment  designed  to  have 
all  ultimate  heighth  of  141  ft.  and  a  maximum  length  of  9,140 
ft.  at  the  crest.  When  the  construction  was  first  started  a  dike 
was  placed  along  the  toe  of  both  slopes  of  the  ultimate  section. 
These  dikes  were  30  ft.  high  at  the  lowest  point  in  the  valley 
lacross  which  the  dam  is  being  built,  and  were  made  to  a  top 
width  of  30  ft.  during  the  working  season  of  1908.  The  material 
for  the  dikes  was  excavated  by  elevating  grader  machines  from 
borrow  pits  directly  above  atid  below  th.e  site  of  the  dam,  and 
was  delivered  from  these  machines  to  place  by  1%-yd.  dump 
wagons. 

The  material  handled  was  largely  surface  soil  and  clay,  under- 
lain by  a  thin  stratum  of  sand  and  gravel  that  was  used  to  some 
extent  in  the  dikes.  None  of  the  materials  had  to  be  blasted,  but 
it  was  necessary  to  loosen  them  with  a  plow  in  some  cases.  The 
ground  between  the  borrow  pits  and  dikes  was  level  enough  to 
eliminate  diffidulty  in  hauling  over  it.  The  dikes  also  were  kept 
in  such  shape  that  no  snatch  teams  were  necessary  to  assist  in 
moving  the  wagons  on  them.  The  grading  wa,8  under  way  in  July, 
August,  September,  October  and  November,  1908;  during  which 
time  the  amount  of  rainfall  was  so  small  that  it  did  not  inter- 
fere materially  with  the  operations.  (A  slide  occurring  on  this 
dam  in  1916  is  described  at  the  end  of  this  chapter.) 

In  computing  the  cost  of  labor  the  wages  paid  were  increased 
50  cts.  per  day  per  man  for  board,  including  Sundays.  Feed 
for  the  horses  and  mules  used  on  the  machines  and  wagons  was 
caloula:ted  at  82  cts.  per  head  per  day,  also  including  Sundays. 
A  mixture  of  corn,  oats  and  bran,  costing  $1.80  per  100  lb.  was 
^sed,i  10  (100-lb.)  sacks  being  required  each  day  to  feed  128 
horses,' or  48  cts.  per  head.  Alfalfa  at  111  per  ton' was  used 
for  rough  feed,  one  ton  being  the  average  amount  necessary  to 
feed  128  head  one  day,  or  27  cts.  per  head. 

The  standing  force  which  had  to  be  distributed  over  the  entire 
contract  was  as  follows: 

1  Walking  Boss  at  $125  per  month,  plus  board $5.31 

1  Foreman  at  $100,   pjus  board 4.34 

1  Foreman  at  $75,  Wus  board... ,  3.3S 

1  Timekeeper  at  $75,   plus  board 3.38 

1  Blacksmith  at  $60,i  plus  board 2.81 

1  Blacksmith's  Hielper  at  $1.75  per  ;day 1.7B 

2  Ooral  Men  at  $15  per  man 4.46     , 

1  Water  Boy  at  $1.75  per  day 1.75 

Total    per    day..,,,,, , $27.18 
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The  cost  of  the  2-horse  dump  wagons  per  day  was  figured'  as 
follows:  Driver  at  $1.75;  feed  for  two  horses,  $1.64  and  25 
cents  for  depreciation,  malcing  a  total  of  $3.64.  When  three 
horses  were  used  to  a  wagon  this  was  increased  by  the  cost  of 
feed  for  one  horse  to  $4.46  per  day.  The  working  day  was  10 
hrs.  Three  of  the  elevating  grader  machines  were  used  while 
most  of  the  work  was  in  progress,  one  of  them  being  pulled  by  a 
traction  engine  an4  the  other  two  by  hprses.  On  one  of  ,  the 
horse-drawn  machines  12  head  of  stock  were  used  and  14  head 
on  the  other.  The  figures  given  are  for  the  12-horse  toachine, 
while  the  added  cost  of  the  14-horse  machine  was  taken  as  the 
expense  feeding  two  more  horses,  or  $1.64  per  day. 

COST  OF  OPERATING  ELEVATING  GRADER  MACHINES 
Machine  Emded  by  Twelve  Morses  — 

Elevator  man  at  $45  per  month,  plus  board $2.43 

Pilot  man  at  $3B  per  month,  plus  board .- 1.85 

Plowman  at  $45  per  month  and  board. 2.23  - 

Push  man  at  $30  per  month  and  board. 1.65 

Dumper  at  $2  per  day 2.00 

Feed  for  12  head  of  stock 9.84 

Depreciation     1.50 

Cost  per  day  of  Twelve-Horse  Machine $21.34 

Machine  hauled  by  Traction  Engine  — ' 

Engineer  at  $100  per  month  and  board.. $4.27 

Fireman  at. $60  per  month  and  board 2.74    , 

Pilot  at  $35  per  month  and  board 1.78 

Plowman  at  $45  per  mouth  and  board 2.16 

Dumper  at  $2  per  day 2.00 

Fuel,  1%  tons  at  $3 ; 4.50 

Hauling  water,  'with  two  horses 3.44 

Hauling   coal,    half  day 1.72 

Lubricating   oil   and   depreciation 3.50 

Cost  per  day  of  Traction  Engine,  Machine $26.11 

During  the  month  of  August  the  cost  with  the  traction  machine 
was  13.3  cts.  per  ou.  yd. ;  the  cost  with  the  14-horse  machine  was 
13.5  cts.;  and  with  the  12-horse  machine  12.6  cts.  Similar  data 
recorded  during  the  month  of  September  gave  the  cost  for  the 
traction-engine  machine  as  14.1  cts;  ior  the  14-horse  machine, 
12.4  cts.,  and  for  the  12-horse  machine,  12.5  cts.  During  that 
month  practically  no  time  was  lost,  and  the  Conditions  obtained 
were  generally  the  same  as  -  in  August.  In  October  the  weather 
was  such  from  the  the  seventeeth  to  the  twenty-fourth,  inclusive, 
that  the  machines  were  not  in  use.  During  this  month  the  14- 
horse  machine  was  operated  at  a  cost  of  12.33  cts.  per  cu.  yd.  On 
the  other  horse-drawn  machine  12  head  of  stock  were  used  for  the 
first  week,  then  that  machine  was  drawn  by  the  traction  for  three 
days,  after  which  the  engine  was  laid  up  and  14  head  of  stock 
used  for  the  time  during  the  balance  of  the  month  when  condi- 
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tions  permitted  work  to  be  done.  The  cost  with  this  machine 
for  October  under  these  conditions  was  13.03  cts.  per  cu.  yd. 

During  all  of  November  only  two  grader  machines  were  oper- 
ated, each  of  them  being  hauled  by  14  head  of  stock.  Both  ma-' 
chines  were  used  14  days,  work  being  interrupted  for  six  days 
at  the  middle  of  the  month  and  operations  ceasing  on  Nov.  27. 
The  average  haul  was  somewhat  less  during  this  month,  but  other 
conditions  were  about  the  same  as  those  above  given.  The  cost 
with  one  machine  was  12.7  cts.  per  eu.  yd.,  and  with  the  other 
machine  13.07  cts.  per  cu.  yd. 

Early  in  November  850  cu.  yds.  of  material  were  placed  in 
a  small  dike  by  means  of  Fresno  and  slip  scrapers.  The  haul  in 
this  case  averaged  about  100  ft.  and  the  materials  were  much  the 
same  as  those  moved  by  means  o'i  the  grading  machines  and 
wagons.     This  work  cost  only  6  cts.  per  cu.  yd. 

In  comparing  the  cost  of  the  operation  of  the  different  grading 
machines  it  should  be  noted  that  the  traction  engine  did  not  work 
to  advantage.  The  disadvantage  of  the  engine  was  due  princi- 
pally to  two  reasons:  First,  the  alkali  nature  of  the  surface 
waters  used  in  the  boiler  occasioned  delays,  and  trouble  on  ac- 
'  count  of  foaming  and  scale.  In  the  second  place,  moist  and 
slippery  ground  handicaps  the  Operation  of  a  traction-drawn 
grader  more  than  those  of  one  drawn  by  stock.  Over  the  period  of 
this  cost  analysis'  several  wet  days  consequently  rendered  condi- 
tions rather  hard  on  the  engine  drawn  machine. 

The  actual  average,  working  time  per  hour  for  the  elevating 
grader  machines  was  about  45  mins.  For  a  haul  of '500  ft.  seven 
wagons  to  a  machine  were  found  to  give  the  greatest  effiiciency. 
For  each  100  ft.  of  haul  it  was  considered  that  one  wagon  should 
be  added.  As  a  general  rule  one  wagon  was  considered  to  haul 
1%  cu.  yds.  as  measured  in  the  embankment. 

It  is  evident  that,  interest,  administration,  camp  equipment 
and  similar  overhead  expenses  are  not  included  in  the  eostsi 

Embankment  for  an  Oil-Storage  Reservoir.  E.  D.  Cole,  in 
Engrmeering  and  Contracting,  Nov.  24,  1915,  gives  the  following: 

The  general  dimensions  of  the  reservoir  are  as  follows:  In- 
side diameter,  bottom  462  ft.,  top  528  ft.;  depth  22  ft.;  width,  of 
top  of  embankment,  11  ft. ;  inside  slope  1%  to  1;  outside  slope 
1%  to  1;  thickness  of  concrete  lining,  bottom  3  ins.,  top  2%  ins. 

Earthwork.  The  formation  at  the  site  was  a  light  sandy  clay, 
and  this  was  easily  handled  by  the  Fresno  and  wheel  scrapers 
used  throughout  the  work.  After  the  site  was  cleared  of  all 
brush  and  grass,  the  foundation  under  the  embankment  was  thor; 
oughly  plowed  and  wet  down  before  the  fill  was  started.  Water 
for  moistening  the  material  was  supplied  through  a  2-in.  pipe 
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line  laid  around  the  site,  just  outside  the  outer  line  of  slope 
stakes,  with  hose  connections'  approxinia,tely  100  ft.  apart.  A  2-in. 
line  ^was  also  run  to  the  center  of  the  reservoir  to  supply  water 
to  the  portion  of  the  site  which  could  not  be  reached  from  the 
outside^ line.  To  avoid  being  in  the  way  of  the  scraper  teams, 
this  pipe  line  was  laid  through  one  of  the  three  12-in.  outlet  pipes 
that  were  placed  in  position  under  the  fill  at  the  beginning  of 
the  work.  A  narrow  trench  was  dug  from  the  inner  end  of  this 
outlet  pipe  to  the,  center  of  the  reservoir,  and  the  2-in.  line  was 
laid  in  it.  This  line  was  lowered  from  time  to  time' as  the  work 
progressed,  and  was  kept  far  enough  below  the,  surface  of  the 
excavation  to  be  clear  of  the  plow  and  scraper  teams.  Wetti'ng 
down  the  excavation  material  was  a,  help  in  several  ways,  as  it 
not  only  made  a  more  compact-  bank,  but  kept  the  dust  down  and 
made  the  earth  ride  better  in  the  scrapers..  This  may  seem  in- 
consistent, inasmuch  as  the  work  was  done  during  the  rainy  sea- 
son, but  can  be  readily  understood  on  taking  into  consideration 
the  fact  that  only  6  working  days  were  lost  during  the  winter 
on^  account  of  wet  weather.  The  embankment  was  built  up  in  i 
thin  layers,  abOut  3  ins.  thick,  laid  parallel  to  the  floor  of  the 
reservoir,  and  well  compacted.  In  addition  to  the  tramping:  of 
the  scraper  teams,  the  fill  was  compacted  by  two  petrolitic  roll- 
ing tampers  (see  Chapter  VI  for  illustration)  which  were  driven 
continually  around  the  top  of  the  embankment,  ; 

To  insure  a  compact  and  i-.niform  backing  ,for.  the,  concrete 
lining,  on  the  inner  slope  below  the  natural  ground  surface,  the 
excavation  was  started  2  ft.  (measured  normal  to  the  slope) 
inside  the  inner  line  of  slope  stakes.  This  necessarily  increased 
the  quantity  of  excavation,  and  left  the  embankment  short  on 
the  inner  slope  by  this  quantity.  After  the  completion  of  the 
main  portion  of  the  embankment,  a  lining  of  selected  material, 
3  ft.  thick  (measured  normal  to  the  slope),  was  built  up  against 
the  inner  slope,  from  subgrade  ( 1  ft.  below  floor  grade )  to  the 
top  of  the  finished  fill.  This  e.xtra  foot  of  material  was  put  on 
to  insure  a  compact  surface  at  the  grade  line  of  the  inner  slope, 
but  was  afterward  removed,  as  will  be  described  later.  The 
reiill  is  an  important  part  of  the  construction  because  it  would 
cut  off  any  layers  of  sand  or  loose  material  that  might  be  en- 
countered in  that  portion  of  the  inner  slope  which  lies  below  the 
ground  surface.  On  some  previous  work  it  was  found  necessary 
to  excavate  and  refill  portions  of  the  natural  embankment,  below 
the  ground  surface,  after  the  fill  had  been  completed  and  trimmed 
to  grade;  this  work  caused  considerable  delay  and  added  expense. 
One  concrete-lined  reservoir  in  this  field  partly  failed,  due  to 
neglect  of  this  part  of  the  work,  necessitating  heavy  expense  in 
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emptying  the  reservoir,  besides  tlie  loss  of  a  conbiderablfe  quantity 
of  oil  and  the  cost  of,  patching  the  lining. 

On  the  first  reservoir,  in  which  a  refill  was  put  in,  the  lining 
of  selected  material  was  started  with  Fresno  scrapers,  but  these 
were  soon  abandoned  in  favor  of  wheel  scrapers,  on  account  of 
the  difficulty  in  keeping  them  from  sliding  over  the  edge,  and 
also  because  the  wheel  scrapers  would  build  up  a  bench  of  the 
required  width,  and  it  was  impossible  to  keep  within  the  limits 
with  the  Fresnos.  Apparently,  the  wheel  scrapers  build  up  a 
more  compact  lining. 

Trimming  Slopes.  On  the  completion  of  the  main  embankment 
and  the  refill,  the  excess  material  on  the  inner  slope,  which 
ranged  in  thickness  from  1  ft.  at  the  top  to  2  ft.  at  the  bottom, 
was  trimmed  off  leaving  the  slope  smooth  and  true  to  grade.  For 
this  work  of  trimming  the  slope,  a  novel  and  (the  writer  be- 
lieves) original  method  was  used.  Grade  stakes  were  set  on 
radial  lines,  both  at  the  top  and  inner  toe  of  the  slope,  approx- 
imately every  10  ft.  around  the  circumference  of  the  reservoir. 
Men  with  mattocks  and  slope-level  boards  then  dug  narrow 
trenches,  1  ft.  wide  and  true  to  grade,  from  the  top^  grade  stake 
to  the  stake  at  the  toe  of  the  slope.  ,  Then  2  by  4-in.  timbers,  38 
ft.  long,  each  faced  with  a  narrow  strip  of  strap  iron,  were  placed 
ip.  the  bottom  of  each  trench  to  act  as  guides  for  a  trimming  ma- 
chine which  was  used  to  finish  that  portion  of  the  slope  between 
the  hand-dug  trenches.  Before  using  the  planer,  however,  all 
excess  material  above  the  top  of  the  2  by  4-in.  timbers  was  scraped 
off  the  slope  with  a  specially  made  Mormon  or  Buck  scraper 
which  was  dragged  up  and  down  the  slope,  power  being  furnished 
by  a  double-drum  hoisting  engine  at  the  center  of  the  reservoir. 
The  back-up  line  from  the  engine  passed  through  a  12-in.  snatch- 
block  supported  at  the  top  of  the  slope  on  a  portable  wooden 
truss  designed  for  that  purpose.  This  wooden  truss  was  anchored 
against  over-turning  by  two  heavy  chains  fastened,  to  iron  stakes 
driven  into  the  top^  of  the  emba.nkment.  As  each  succeeding  sec- 
tion of  the  slope  was  finisned,  the  wooden  truss  was  moved  along 
the  top  of  the  bank  with  a  team  of  horses. 

After  the  bulk  of  the  material  above  the  top  of  the  ,  2x4-in. 
timbers  had  been  removed,  a  slope-trimming  machine,  designed 
and  built  by  Mr.  C.  0.  Zeller  and  the  writer,  was  substituted  for 
the  Mormon  scraper  and  used  to  plane  off  the  remaining  thin 
layer  of  earth  and  bring  the  slope  to  grade  or  flush  with  the 
bottom  of  the  guides.  :Fig.  18  shows  the  trimming  machiije, 
which  consists  of  a  rectangular  fraine  11  ft.  long  and  6  ft.  wide, 
built  up  of  6-in.  steel  channels  bolted  together  and  carrying  two 
cutting  blades.     The  cutting  blades  are  of   %xl2-in.  flat  rolled 
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steel,  and  are  set  at  an  angle  with  the  frame  of  1  to  l^/^-'  The 
blades  are  also  set  at  a  slight  angle  longitudinally  with  each 
other,  and  the  cutting  edge  projects  down  2  ins.  below  the  bottom 
of  the  frame.  The  planer  is  dragged  back  and  forth  on  the  slope 
until  the  ends  of  the  frame  ride  on  the  top  of  the' guides,  and  that 
particular  section  is  shaved  off  flush  with  the  bottom  of  the 
guides,  or  down  to  grade.  •  In  this  way  nearly  nine-tenths  of  the 
slope  were  finished  by  machine  and  at  one-half  the  cost  of  doii^ 
the  work  by  hand. 
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Fig.  18.     Slope-Trimming  Machine. 
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Concrete-lined  reservoirs  of  this  type  cost,  complete,  from  9% 
to  10  cts.  per  bbl.  of  capacity,  depending  on  the  location  and 
other  governing  conditions.  This  cost  may  be  distributed  ap- 
proximately as  follows : 

Cost  of  earthwork  $0,03  per  bbl.  of  capacity 

Cost  of  roof    ....'.' 0.03  per  bbl.  of  capacity 

Cost  of  concrete  lining  0.04  per  bbl.  of  capacity 

Rolling  Fuddle  on  Reservoir  Embankment  Slope.  Engineering 
and  Contraoting,  Apr.  10,  1907,  gives  the  following:  Fig.  19 
shows  the  method  adopted  for  compacting  an  18-in.  layet  of 
puddle  on  the  slope  of  a  reservoir  embankment.  The  embank- 
ment was  for  a  settling  basin  forming  a  portion  of  the  water 
pufiflcation  works  at  Columbus,  O.  These  works  occupy  a  rec- 
tangular tract  500x700  ft.  in  area  and  the  spoil  and  the  materials 
for  construction  were  largely  handled  by  two  Lidgerwood  travel- 
ing cableways  of  760  ft.  span.     One  of  these  cableways  was  turned 


DESIGN  AUD  CONSTRUCWON  OF  EARTH  DAMS       1170 

to  the  novel  duty  of  operating  the  roller  on  the  embankment  slope. 
The  settling  basin  was  lined -with  18  ins.  of  2  parts  gravel  and  1 
part  clay  puddle  mixed  in  a  Drake  continuous  mixer.  The 
puddle  was  deposited  in  6-in.  layers,  each  of  which  was  allowed 
to  dry  and  was  thoroughly  rolled  before  the  riext  layer  was  placed. 
For  rolling  the  puddle  on  the  bottom  of  the  reservoir  a  5-ton 
grooved  roller  made  by  the  Kelly-SpringGeld  Co.,  was  used.  The 
embankment  slopes  were,  however,  too  steep  to  permit  a  steam 
roller  being  operated  and,  therefore,  use  was  made  for  this  task  of 
a  home-made  roller  operated,  by  one  of  the  cableways.     The  roller 
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Fig.  19.    Method  of  Rolling  Reservoir  Embankment. 


was  made  from  two  40-in.  diameter  fly  wheels  set  close  end  to 
end  on  a  common  shaft  and  filled  inside  with  concrete.  This 
roller  weighed  1,350  lbs.  and  was  readily  operated  laterally  up 
and'  down  the  slope  or  longitudinally  up  the  slope.  The  whole 
arrangement  proved  very  successful. 

A  roller,  weighing  5  tons  and  drawn  by  a  portable  hoisting 
i  engine,  was  used  for  rolling  slopes  of  reservoirs  at  Denver,  Colo. 
(Transactions,  American  Society  Giml  Engineers,  Vol.  27.)     This 
machine  is  illustrated  in  Fig.  20. 

Self-Loading  Wagon  for  Building  Reserv'olr  Embankment. 
Engineering  and  Contracting,  May  31,  1916,  gives  the  following: 
In  building  embankment  for  the  Hiland  Avenue  Reservoir  at 
Pittsburgh,  Pa.,  a  novel  device  described  by  Emile  Low  was 
employed.  This  "  home-made  "  machine  consisted  of  a  large  box, 
supported  by  two  pairs  of  wheels,  and  drawn  by  three  horses. 
This  box  held  about  1  cu.  yd.     At  the  front  end  there  was  a  slat 
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Fig.  20.    Roller  for  RpUihg  Slopes. 
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elevator,  operated  by  cogs  and  pinions.  At  the  bottom  of  the 
elevator  there  was  a  scoop-shaped  plow.  The  material  was  loos- 
ened by  this  plow  and  then  forced  upon  the  elevator  and  carried 
into  the  box.  When  the  latter  was  full,  the  scoop  or  plow  was 
raised  and  the  whole  machine  was  hauled  to  the  embankment. 
The  bottom  of  this  box  consisted  of  a  number  of  hinged  slats, 
which,  when  turned,  allowed  the  material  to  drop  out  gradually, 
forming  a  layer  of  about  4  ins.  Ths  machine  proved  ah  ideal 
one  for  building  the  embankment,  iirSt  on  account  of  the  thin  and 
even  layers  deposited;  and,  second,  on  account  of  the  consolidation 
of  the  layers  by  the  passage  of  the  heavy  loads  over  it.  Not- 
withstanding this,  rolling  with  the  prescribed  heavy  grooved  roller 
was  never  omitted,  although  it  seemed  at  times  to  be  a  senseless 
requirement.  '  ' 

Cost  of  Embankments  and  Puddle  for  a  Settling  Basin.  En- 
gineering and  Contracting,  June  25,  1913,  gives  the  following 
relative  to  a  settling  basin  for  the  Minneapolis  filter  plant:  For, 
building  the  embanknient  a  selected  clayey  material  was  obtained 
from  two  borrow  pits  in  the  immediate  vicinity  and  was  hauled 
by  means  of  common  dump  wagons  of  1%  cu.  yds.  capacity,  or 
No.  2  wheel  scrapers,  as  the  length  of  haul  demanded.  This  was 
spread  in  6-in.  layers,  was  well  sprinkled  and  rolled  by  means  of 
a  14-ton  steam  roller. 

On  the  side  of  the  raised  embankment  of  the  settling  basin 
next  to  the  water  a  puddle  wall  of  selected  clayey  material  4  ft. 
thick  was  built.  This  puddle  was  placed  in  horizontal  layers 
from  1  -in.  to  2  ins.  thick.  It  was  well  sprinkled  with  water  and 
tamped  with  wooden  tampers  until  the  whole  was  of  the  proper 
consistency  and  was  then  allowed  to  dry.  Embankments  and. 
puddle  wall  were  kept  as  near  the  same  elevation  as  possible  at 
all  times.  After  placing  the  puddle  wall  and  the  embankments 
were  at  or  near  their  proper  heights,  a  layer  of 'crushed  limestone 
14  ins.  thick  measured  normal  to  the  slope  was  placed,  thereon. 
On  top  of  this,  for  a  part  of  the  slope  distance,  a  6-in.  layer  of 
1:2:4  concrete  was  laid  in  10-ft.  strips  with  an  asphalt  joint 
between  them.  The  remaining  portion  of  the  embankments  were 
covered  with  sandstone  paving  stones  taken  from  the  north  basin 
which  were  of  no  further  use  there.  All  inside  slopes  have  a  slope 
of  1 :  2,  and  all  outside  slopes  1  to  ly^. 

Labor  Cost  Data  on  Settling  Basin  for  1911.  Earth  Fill.  The 
earth  fill  was  well  sprinkled  with  water  and  was  rolled  in  6-in., 
layers  with  a  14- ton  steam  roller.  The  average  unit  cost  on 
16,212  cu.  yds.  of  fill  was  48.5  cts.  per  cu.  yd.  The  average  haul 
was  1,200  ft.     Amount  hand-tamped,  1,100  cu.  yds.  ' 

Puddle  Wall. — Earth  hand  tamped  in  1%  to  2-in.  layers.    Water 
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pumped  with  hand  pump.     The  average  unit  cost  on  836  cu.  yds. 
was  89.2  cts. 

Laborers  were  paid  $2.25  per  day;  and  teams  $4.72  per  day. 

Lalor  Cost  Data  on  Settling  Basin  in  1912.  Earthwork. — Ex- 
cavation: 321  cu.  yds.  of  earth  were  excavated  from  trenches  by 
hand  at  an  average  cost  of  78.4  cts.  per  cu.  yd.  This  cost  includes 
the  sheeting  and  staging.  Of  the  321  cu.  yds.  excavated,  236 
cu.  yds:  was  dry  work,  shoveled  three  times,  40  cu.  yds.  was  wet 
clay  handled  four  times,  and  45  cu.  yds.  was  wet  clay  handled 
twice,  at  average  costs  of  80  cts.^  $1,  and  40  cts.  per  cu.  yd.,  re- 
spectively,. Backfill :  747  cu.  yds.  were  backfilled  by  hand  and 
scraper  at  an  average  cost  of  34.7  cts.  per  pu.  yd.  The  ground 
was  wet  and  partly  frozen.  This  figure  includes  the  hauling  of 
93  cu.  yds.  900  ft.  Fill:  The  fill  of  10,773  cu.  yds.  was  well 
sprinkled  and  rolled  in  layers  of  6  ins.  with  a  14-ton  roller. 
Average  cost,  49.8  cts.  per  cu.  yd.. 

Puddle  Wall. — The  1,529  cu.  yds.  of  puddle  were  tamped  by 
hand  in  1%  to  2-in.  layers  at  an  average  cost  of  75.7  cts.  per  eu. 
yd.     The  water  needed  was  pumped'  by  hand. 

Laborers  were  paid  $2.40  per,  day,  and  teams  $5.00  per  day. 

Labor  Cost  Data  on  Filters  amd  Filter  House  in  1912.  Earth- 
work.— Excavation:  2,409  cu,.  yds.  of  clay  was  excavated  with 
pick  and  shovel  at  average  cost  of  65.2  cts.  per  cu.  yd.  Some  of 
this  clay  was  handled  three  times.  The  cost  includes  a  small 
amount  of  sheeting.  Fill:  6,494  cu.  yds.  of  fill  was  made  at  an 
average  cost  of  44%  cts.  per  cu.  yd.  Sandy. soil  was  used  and 
was  tamped  by  hand  under  pipes.  The  average  haul  of  material 
was  800  ft. 

Earth  Dam  at  Springfield,  Mass.  Charles  R.  Gow  in  Engineer- 
ing and  Contracting,  Ja.Ti.  18,  1911,  gives  the  following:  A  dam 
for  the  Springfield  (Mass.)  Waterworks  was  740  ft.  long  at  the 
crest  and  its  maximum  height  above  the  natural  ground  was  35 
ft.  Its  maximum  width  at  ground  level  was  165  ft.  The  slopes 
were  carried  1  on  2  and  a  roadway  16  ft.  wide  surmounted  its  top. 
A  cut-off  trench  was  carried  to  rock  for  the  entire  length,  in 
which  was  built  a  concrete  xjut-oiT  wall  3  ft.  thick,  extending  up- 
wai-d  from  the  ledge  to  a  little  above  the  natural  surface.  Sur- 
rounding this  cut-off  wall  and  extending  upward  through  the 
middle  portion  of  the  cross-section  is  a  clay  core  built  with  the 
material  secured  from  the  borrow  pit. 

As  practically  all  of  the  excavated  material  was  to  be  utilized 
in  fills,  either  in  the  earth  dam  or  in  grading  over  and  around 
the  completed  filters,  no  satisfactory  system  of  car  transportation 
for  the  excavated  material  was  deemed  available.  Two-horse 
teams  hauling  bottom-dump  wagons  were  used  throughout  the 
work,  and  the  excavated  material  was  deposited  without  further 
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rehandling  in  its  final  position.  Tlie  elevation  of  filter  subgrade 
was  455,  while  that  of  the  finished  dam  was  495,  necessitating  a 
final  maximum  uphill  haul  of  40  ft.       ' 

Snatching  the  Wagons  Uphill.  A  short,  steep  road  was  se- 
lected up  the  side  hill  at  the  westerly  end  of  the  dam  and  an  18- 
in.  gage  railway  track  laid  in  a  straight  line  from  the  bottom  to 
the  top  of  this  road.  A  hoisting  engine  was  installed  at  the  top 
of  this  track  and  a  weighted  car,  consisting  of  a  small  steel  tank 
filled  with  concrete  and  mounted  on  four  wheels,  was  operated  up 
and  down  the  track  by  this  engine  with  a  cable.  The  top  of  this 
car  was  just  high  enough  to  catch  the  rear  axle  of  the  wagons. 
In  operation  the  teams  drove  on  to  and  over  the  track  near  its 
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Fig.  21.     Settling  Basin  Dam,  Springfield,  Mass. 

lower  end  and  headed  uphill  with  the  wheels  astride  the  track, 
the  car  at  this  time  being  at  the  lower  extremity  of  the  railway. 
The  car  was  then  started  up  the  track,  catching  against  the  rear 
axle  of  the  wagon,  and  practically  boosted  the  load  uphill,  the 
horses  being  only  required  to  keep  the  pole  headed  in  the  proper 
direction.  At  the  top  of  the  track  the  team  swung  oS  downhill 
toward  the  fill,  and  the  car  ran  back  by  gravity  to  await  the  next 
load.  The  grade  of  this  road  was  about  18%  and  its  length  about 
150  ft.  The  teams  could  be  handled  on  it  at  the  rate  of  One  per 
minute. 

General  Excavation.  The  item  of  General  Excavation  included 
all  excavation  for  the  filters,  for  the  aerator  and  various  building 
foundations,  for  stripping  at  the  site  of  the  dike,  and  in  general 
all  cases  of  earth  excavation  required  under  the  contract  in  which 
the  depth  of  the  excavation  was  less  than  its  breadth.  The  total 
amount  of  yardage  included  under  this  item  was  56,147  cu.  yds., 
of  which  45,081  cu.  yds. , were  handled  by  steam  shovel  and  11,066 
by  hand  loading. 

The  excavation  for  the  filters  was  handled  for  the  most  part  by 
;a  steam  sliovel,  while  all  other  General  Excavation,  including  a 
«mall  amount  in  Jbe  filters,  was  excavated  and  loaded  by  hand 
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labor.  The  cost  records  were  so  kept  as  to  only  designate  be- 
tween ;  tkese  two  methods. 

Then  Shovel  Work.  A^No.  1  Thew  steam  shovel  with  a  1%-yd. 
dipper  was  selected  for  excavating  the  filter,  beds  because  a  large 
part  ofthe  work  consisted  in  very  light  cuts.  It  worked  well 
on  the  iirst  two  filters,  maintaining  an  output  of  from  300  to  500 
cu.  yds.  per  day. 

When  excavation  for  the  third  filter  was  reached,  many  large 
boulders  were  encountered,  and  from  that  point  onward  their 
occurrence  became  general.  The  work  of  excavation  now  beoanie 
most  tedious  and  expensive.  The  shovel,  although .  not  dsigned 
for  such  work,  was  able  to  dislodge  many  of  the  Small  boulders  of 
i  cu.  yd.  or  less,  but  a  large  percentage  were  of  such  size  as  tu 
require  blasting  before  the  shovel  could  proceed.  The  delays  inci- 
dent to  meeting  these  obstructions  frequently  reduced  the  daily 
average  to  less  than  100  cu.  yds.  In  some  places  boulders  were  so 
thickly  grouped  in  the  ground  that  it  was  necessary  to  resort  to 
hand  excavation  to  clear  around  and  remove  them.  The  gravel 
surrounding  the  boulders  was  cemented  to  such  an  extent  as  almost 
to  r.esem"ble  concrete.  Attempts  were  made  to  bfest  the  bank 
ahead  of  the  shovel,  but  it  was  impossible  to  drill  into  the  mate- 
rial with  any  degree  of  success.  The  ground  contained  so  large 
a  percentage  of  stone,  both  large  and  small,  that  neither  a,  churn 
drill  nor  a  steam  drill  could  be  put  down  without  its  course  being 
deflected.  -rThere  remained  nothing  to  do  but  to  scratch  away  the 
gravel_f  rom  around  the  boulders  and  pry  them  out  with  the  dipper 
or  otherwise  to  blast  them.  Added  to  the  frequent  delays  froim 
boulders,  breakdowns  of  the  shovel  due  to  the  excessive  strain 
upon  it  occurred  almost  daily. 

The  cost  of  steam  shovel  filter  excavation,  including  that  of 
teaming  it  to  its  disposal  point  was  as  follows  for  45,080  cu.  yds. : 

Delivering  and   installing   shovel $0,011 

Foreman   supervising   excavation 0.037  ■ 

Shovel  operation,    labor 0,047 

Coal,    oil,    etc ., 0.033 


Total 


JO.OS 


Bep,^rs,    labor    q  007- 

Repairs,    materials    !!!..!..    o!oi4 

Total    10  Q21 

Depreciation    on    shovel 0  039 

Teaming  excavated  material 0  215 

General  expense,   12.9% o[o52 

Grand  total  per  cu.  yd $0,455 

The  cost  of  installing  the  shovel  includes  the  expense  of  four 
sections  of  oak  platform,  each  section  being  12  ft.  long  by  5  ft.. 
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wide  and  4  ins.  thick.  Each  section  was  fitted  with  lifting  rings 
so  that  it  could  be  easily  handled  by  the  dipper  of  the  shovel 
and  transferred  from  the  rear  to  front  as  the  shovel  moved  for- 
ward. 

No  dumping  expense  is  charged  in  the  teaming  item,  as  all 
labor  of  that  nature  is  included  in  the  cost  of.  the  embankment. 

Hand  Excavation.  Eleven  thousand  and  sixty-six  cu.  yds.  of 
General  Excavation  was  loaded  by  hand  methods.  A  small  amount 
of  loam  stripping  over  the  filter  site  was  done  with  wlieel  scrapers. 
Much  of  the  area  to  be  stripped,  however,  was  of  a  marshy  na- 
ture, due  to  the  presence  of  springs  at  the  upper  end  of  the  lot. 
This  rendered  the  soil  so  soft  as  to  prohibit  the  working  of 
horses  over  it.  Other  parts  of  the  lot  were  so  stony  under  the 
surface  as  continually  to  stall  the  scrapers,  and  the  scraper 
method  of  excavation  was  finally  abandoned  and  wagons  and 
shovels  substituted  therefor. 

The  permanent  diversion  of  the  brook  required  about  1,200  cu. 
yds.  of  excavation,  which  was  executed  entirely  by  hand  methods. 
Part  of  this  channel  was  quite  deep  and  required  some  staging 
and  rehandling"  for  the  bottom  part. 

Excavation  for  the  ofiice  and  laboratory  building,  for  -the  reg- 
ular house  and  for  the  aerator  were  carried  to  depths  of  7,  9 
and  7  ft.  respectively.  The  material  in  this  excavation  was  ce- 
mented sand  and  gravel,  requiring  loosening  with  picks  but  with- 
out the  presence  of  boulders. 

The  removal  of  all  soil  covering  the  area  of  the  dam  site  and 
the  first  4  ft.  in  depth  of  the  cut-oflf  wall  trench  were  also  han- 
dled by  hand.  Excavation  for  central  drains  in  each  filter  was 
also  done  by  hand  labor  and  was  exceedingly  difficult,  being  com- 
posed mostly  of  ■  small  bouldersj  The  following  figures  give  the 
average  cost  of  the  11,066  cu.  yds.  of  hand  work. 

;Foremau $0,037 

Picking    and   Bhoveling    0.527 

Miscellaneous   supplies' ' 0.005 

Teaming    0.215 

Total ."■ J0.784 

General   expense,    12.9% 0.101 

Total  per  cu.  yd '. $0,885 

Trench  Excavation.  Various  pipes  and  drains  in  connection 
with  the  several  parts  of  the  work  required  4,759  cu.  yds.  of  trench 
excavation.  Of  this  account,  653  cu.  yds.  were  in  the  cut-off 
trench  for  the  earth  dam.  In  general,,  all  excavations  whose 
depth  exceeded  their  width  were  classed  as  trench  excavation. 
The  excavation  in  the  cut-off  trench  of  the  dam  involved  special 
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treatment  and  was  subsequently  handled  and  paid  for  as  a  sep- 
arate proposition. 

The  arerage  cut  of  the  many  pipe  trenches  was  about  7  ft.  and 
their  average  width  at  the  bottom  was  approximately  41/2'  ft. 
The  specifications  provided  that  the  measurement  for  payment 
should  include  slopes  of  2  vertical  to  1  horizontal,  regardless  of 
whether  more  or  less  was  actually  removed.  The  general  nature 
of  the  material,  however,  was  such  as  to  allow  vertical  banks  in 
all  cases,  mostly  without  boulders.  The  cost  of  this  compact 
cemented  sand  and  gravel  trench  work  was  as  follows  for  4,106 
cu.  yds.: 

Picking  and  shoveling,  inc.  baelcfllling $0,243 

General  expense,   12.9% 0-032 

Total  per  cu.  yd :^ $0,275 

Blasting  Borrowed  Eaicavation.  This  item  of  the  work  em- 
braced the  securing  and  delivery  of  such  material  as  was  required 
for  the  fills  in  excess  of  that  supplied  from  General  Excavation. 
It  was  originally  expected  that  Borrowed  Excavation  would  only 
be  necessary  in  supplying  about  16,500  cu.  yds.  of  clayey  mate- 
rial for  the  core  or  middle  portion  of  the  earth  dam.  It  'subse- 
quently became  necessary  to  increase  the  amount  of  borrow  to 
30,000  cu.  yds.  on  account  of  the  deficiency  of  material  caused  by 
the  elimination  of  boulders  and  large  stones  from  the  material 
brought  from  General  Excavation. 

Material  conforming  to  the  requirements  of  the  specifications 
for  use  in  the  core  of  the  dam  was  obtained  on  land  belonging  to 
the  city,  at  a  distance  of  approximately  2,500  ft.  from  the  dam 
in  an  uphill  direction.  The  haul  from  this  point  to  the  dam  was, 
therefore,  downhill  to  the  filter  site;  from  which  it  was  necessary 
to  haul  up  grade  as  the  dam  fill  increased; 

The  material  was  a  compact,  clayey  sand,  containing  at  times 
a  moderate  amount  of  gravel.  Its  location  in  a  side  hill  af- 
forded an  excellent  opportunity  for  loading,  and  eventually  a  face 
of  50  ft.  in  height  was  obtained. 

An  attempt  was  made  to  loosen  the  material  by  blasting,  using 
black  powder  in  holes  drilled  some  distance  back  from  the  face. 
It  was  found,  however,  that  water  seeping  through  the  material 
wet  the  holes,  and  even  when  not  troubled  from  water  the  shots 
were  unsatisfactory,  due  mainly  to  the  elastic  nature  of  the 
material. 

An  attempt  was  then  made  to  loosen  a  large  section  of  the  bank 
by  means  of  a  tunnel  driven  into  the  hill  and  exploding  a  mine 
therein.  Again  the  result  was  unsatisfactory,  the  efi^ect  of  the 
shot  manifesting  itself  in  the  shape  of  a  small  crater  while  only 
a  comparatively  small  amount  of  material  was  loosened  in  pro- 
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portion  to  the  amount  of  labor  and  explosives  required.  A  suc- 
cessful method  of  loosening  was  finally  obtained  by  the  use  of 
undercutting  shots.  A  row  of  short  holes  was  churned  in  diag- 
onally downward  along  the  base  of  the  vertic9,l  face  of  the  pit. 
These  holes  were  fired  simultaneously,  usjng  dynamite  for  the 
purpose.  The  resulting  shot  kicked  out  a  triangular  strip  of  the 
material  from  under  the  face,  while  the  shock  of  the  explosion 
caused  the  overhanging  mass  above  to  crack  and  topple  over, 
thereby  breaking  it  into  a  loose  pile  which  was  easily  shoveled. 
At  times,  after  the  face  had  reached  a  considerable  height,  four 
or  five  holes  loaded  with  10  or  15  sticks  of  dynamite  would  loosen 
and  break  up  from  100  to  150  cu.  yds. 

For  loading  the  material  into  wagons  a  large  guyed  derrick 
was  installed  and  equipped  with  a  1-yd.  orange-peel  bucket  which 
delivered  into  a  hopper  under  which  the  teams  drove  and  received 
their  loads.  This  arrangement  was  very, satisfactory  while  work- 
ing, .but  the  frequent  delays  caused  by  minor  breakdowns  and 
repairs  rendered  it  uneconomical. 

Wagon  Hauling.  The  average  length  of  haul  from  the  pit  was 
about  2,500  ft.,  or  a  round  trip  of  5,000  ft.  The  greatest  number 
of  trips  per  team,  made  or  required,  was  20  in  10  hours.  The 
average  for  the  entire  work  was  about  18.  The  wagons  holding 
1%  cu.  yd.  level  measure  were  ordinarily  well  rounded  up  when 
leaving  the  pit,  but  the  average  load,  bank  measure,  was  only 
about  1  cu.  yd. 

The  nature  of  the  material  rendered  it  difficult  to  team  over 
during  or  immediately  after  wet  weather,  and  the  same  was  true 
of  the.  highway  over  which  the  teams  were  obliged  to  pass.  On 
the  other  hand,  in  dry  weather,  the  highway  was  deep  with  dust, 
adding  another  unpleasant  feature.  The  cost  of  19,952  cu.  yds. 
of  clay  borrowed  for  the  core  wall  was: 

Blasting : 

Labor   drilling    holes $0,017 

Explosives    0.018 

Total  cost  of  blasting  per  cu.  yd..... J0.035 

Loading : 

•  Foreman,   laborers,    etc, $0.2022 

Coal,  oil,  plant,  etc .' 0,0226 

Special  tools  used..., 0.0014 

Total  cost  of  loading  per  cu.  yd ; $0,226 

Teaming   to    dam 0.36 

General    expense,    12.9% 0.08 

Grand  total  per  cu.  yd $0,701 

Since  double  teams  cost  $6  per  day,  the  teaming  charge  of 
$0.36  gives  an  average  of  17  cu.  '^ds.  per  team.     It  may  be  added 
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that  but  few  teams  could  stand  this  work  continuously,  and  fre- 
quent changes  of  teams  were  required  to  rest  the  horses. 

Second  Borrow  Pit.  When  the  filter  excavation  was  completed 
it  was  found  that  additional  material  to  the  extent  of  several 
thousand  yards  would  be  required  to  complete  the  fills. 

A  borrow  pit  was  accordingly  designated  by  the  engineer  lo- 
cated near  the  tunnel  portal  at  the  westerly  end  of  the.  work, 
an  average  distance  of  1,400  ft.  from  the  dam  and  1,00  ft.  from 
the  general  fill  over  and  around  the  filters.  The  general  level  of 
the  floor  of  this  pit  was  somewhat  higher  than  that  of  the  fin- 
ished dam,  and  at  a  slight  expense  a  sidehill  road  was  constructed, 
which  permitted  a  practically  level  haul  to  this  point.  The 
steam  shovel  from  the  filter  excavation  was  installed  in  this  pit 
and  worked  under  much  more  favorable  conditions  than  it  had 
met  in  the  filter  excavation.  The  material  first  encoimtered  was 
of'  a  compact,  rough  gravel,  but  this  soon  changed  to  a  sandy 
clay  which  was  used  throughout  the  upper  portion  of  the  dam, 
both  for  core  and  outer  fill.  The  cost  of  gravel  and  clay  excava- 
tion in  this  pit  and  teaming  to  the  fills  was  as  follows  for  16,296 
cu,  yds.: 

Foreman $0,022 

~   '     Loading   teams 0.084 

,   Coal  aijd.  oil 0.016 


Total  cost  of  loading  per  cu.  yd $0.10 

Moving  shovel  from  filters $0,004 

Repairs  on  shovel  . . .■ ^\.'. ; 0.082 


Total $0,086 

Teaming  to  fills    ., 0.21' 

Constructing  roads  and  bridges 0.012 

General  expense,  12.9%   0  0B5 


Grrand  total  per  cu.  yd , $0,485 

The  cost  of  loading  is  somewhat  misleading,  since  it  includes, 
the  loading  by  hand  of  all  soil;  stripping,  a  total  of  2,330  loads  out 
of  13,843  loads  taken  from  the  pit. 

Spreading  md  Rolling  the  Embwnkment.  After  the  area  to  be 
covered  by  the  dam  had  been  grubbed  and  stripped  of  soil,  and 
after  the  cut-off  wall  W^s  constructed,  material  from  the  borrow 
pit  was  dumped,  spread  by  hand  and  tamped  on  both  sides  of 
the  wall  until  its  level  reached  that  of  the  surrounding  ground. 
From  the  ground  level  the  fill  was  carried  upward  as  indicated  in 
Fig.  21,  jnaterial  from  the  filter  excavation  being  dumped  and 
spread  on  the  two  outside  thirds  and  that  of  the  clay  borrow  pit 
on  the  middle  third.  The  several  layers  were  so' deposited  that 
the  clay  and  gravel  lapped  each  other  alternately  at  their  joints, 
giving,  a  dovetailed  bond  between  the  core  and  the  main  fill.     The 
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specifications  required  that  the  layers  should  be  carried  4  ins. 
thickness.  This  provision,  however,  was  not  rigidly  insisted 
upon,  the  usualf  thickness  being  at  least  6  ins.,  and  at  times  even 
heavier  layers  were  permitted  if  in  the  judgment  of  the  engineer 
the  material  was  of  a  nature  to  admit  of  proper  consolidation  by. 
rolling.  This  feature  is  a  most  important :  factor  in  reducing 
cost,  and  must,  therefore,  be  considered  in  connection  with  the 
cost  figures  herein  given. 

For  a  while  the  spreading  was  accomplished  by  means  of  a  No. 
2  Climax  road  machine  drawn  by  two  horses.  The  teams  dumped 
the  material- in  rows  and  the  machine  following  level  the  rows  to 
the  required  thickness.  When  the  rough  material  was  encountered 
in  the  filtei'  excavation,  it  ibeoame  impracticable  to  use  the  grader, 
as  the  large  stones  were  so  numerous  that  the  machine  was  unable 
to  spread  the  piles  even  when  drawn  by  four  horses.  This  necessi- 
tated recourse  to  hand-leveling  i  and  the  use  of  a  atone  drag  and 
teams  to  remove  stones  larger'  than  6  ins.  in  diameter  which  the 
specifications-  directed  should  be  excluded  from  the  fill.  Small 
stones  from  6  to  12  ins.  in  size  were  thrown  down  the  slopes, 
those  on  the  upstream  side  rtemaining  there  and  constituting  part 
of  the  3-f t.  rock  fill  called  for  on  :that  slope,  while  stones  thrown 
out  on  the  downstream  >  slope  were  collected  and;  teamed :  to.  the 
crusher  to  be  broken  for  use  in  concrete.  All  large  stones  were 
loaded  on  a  drag  and  rolled  into  the  rock  fill.    ,1; 

The  specifications  provided  for  the  rolling  of  the  embankment 
with  a- grooved  roller  weighing  not  less  than  1%  tons  per  linear 
foot  of  roll.  This  provision,  of  course,  necessitated  the  use  of  a 
power  roller.  For  a  short  time  a  traction  engine  weighing  about 
10  tons  was  used  for  the- purpose  and  gave  excellent  results  so 
far  as  the  quality  of  rolling  was  concerned.  It  was  out  of  com- 
mission so  often,  however-,  due  to  breakdowns  and  defects,  that  a 
new  Buffalo-Pitts  tandem  typfe  of  steam  roller  was  purchased 
and  its  two  rolls  -equipped  with  heavy  steel  bands  to  give  them 
the  grooved  effect.  This  roller  was  rated  by  the  makers  at  8 
tons,  but  with,  its -boiler  and  tank  filled  and  the  added  weight  of 
the  steel  hands  it  actually  weighed  12  tows.  This  total  weight 
of. the  roller  produced  the  necessary  load  specified  by  flie  specifi- 
cations On  each  of  its  two  rolls,  consequently'  every  layer  received 
two  rollings  every  time  the  roller  passed,  each  conforming  to  the 
specified  requirements - 

While  awaiting  the  arrival  of  this  roller,  a  horse  roller  weigh- 
ing 2%  tons,  or  %  ton  to  the';  linear  foot  of  roll,  was  used  and 
was  drawn  by  four  horses.  This  roller  did  not,  of  course,  meet 
the  contract  requiremenitfr,  buti  a  temporary  concession  was  made 
in  -the  matter  by  the  engineer  during  this  interval.  This  same 
horse  roller  was, later  used  near  the  top  of  the  dam  during  a  shorl^ 
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interval  while  the  steam  roUer  was  undergoing  repairs.  It  is 
estimated  that  from  8,000  to  10,000  cu.  yds.,  or  about  17%,  of 
this-  embankment  was  rolled  with  this  horse  roller. 

Considerable  difficulty  was  encountered  in  rolling  the  clay  core 
after  a  rainstorm,  with  the  heavy  roller.  This  material  when 
once  wet  retained  the  moisture  for  a  long  period,  and  when  sat- 
urated assumed  a  jelly-like  consistency.  On  such ,  occasions,  lay- 
ers of  gravelly  material  were  spread  over  it  and  rolled  until  the 
clay  squeezed  up  through  it.  Sometimes  several  layers  of  gravel 
were  required  to  stiffen  the  clayey  material  sufficiently. 

As  a  general  thiirg,  the  teams  passed  over  the  dam  longitudi- 
nally with  their  loads,  and  it  is  highly  probable  that  the  grooving 
action  of  the  Wheels,  together  with  the  tamping  action  of  the 
horses'  hoofs,  was  of  great  a,ssistahce  in  consolidating  the  fill. 
Very  little  watering  was  required,  as  the  material  from  the  filter 
excavation  was  usually  moist  if  not  wet,  and  it  was  found  diffi- 
cult to  wet  the  clay  without  softening,  it  too  much. 

Material  was  measured  in  excavation  and  embankment  and 
11,000  cu.  yds.  of  shrinkage  discovered;  Owing!  to  different  classes 
of  fill  for  which  excavation  was  used,  it  was  not  possible  to  say 
how  much  of  the  total  shrinkage  was  due  to  the  compacting  of 
the  embankment;  however,  this  was  estimated  to  have  been  11%. 

The  cost  of  building  this  embankment,  after  delivering  the 
earth,  was  as  follows  for  52,233  cu.  yds.  in  place: 

Labor  and  teams  used  in  spreading  material  and  pick- 
ing  stones    $0.0435 

Labor  making  roads  and  bridges 0.001 

Miscellaneous   supplies  , 0.0005 

Total  for  spreading  in  layers $0.0450 

Operating  steam  roller 0.0098 

Coal,   oil,   etc 0.0055 

Depreciation  and  repairs  on  roller 0.017 

Teams   on  horse  roller 0.0076 

Total  cost  of  rolling  per  cu.  yd $0.0399 

Teams  watering   0  0008 

Foreman    0.0151 

General  expense,   12.9% 0.013 

Grand  total  per  cu.  yd $0.1138 

General  Fill.  The  work  embraced  under  this  item  included  the 
fills  around  and  over  the  filters,  the  grading  and  loaming  of  the 
same  and  all  other  fills  around  the  grounds  which  might  be  made 
under  the  direction  of  the  engineer. 

The  loam  originally  stripped  from  the  filter  site  was  the  only 
earth  rehandled  under  this  item,  representing  perhaps  1,000  cu. 
yds.  The  balance  of  loam  necessary  to  cover  the  various  fills  was 
^aid  for  both  as  borrow  and  as  general  fill.     With  the  exception 


DESIGN  AND  CONSTRUCTION  OF  EAKTH  DAMS       1191 

of  the  1,000  cu.  yds.  of  loam  mentioned,  the  expense  charged,  to 
this  item  was  limited  to  that  of  dumping,  spreading  and  grad- 
ing material  hauled  from  the  excavations.  The  cost  of  22,520 
cu.  yds.  of  general  fill  was  as  follows: 

Labor  dumping,  spreading  and  grading $0.0613 

Teams  and  labor  rehandling  1,000  cu.  yds.  of  loam....    0.0147 
General  expense,   12.9% 0.01 

Total  per  cu.  yd .^ $0,087 

Comment  on  above  figures :  The  total  expense  of  rehandling 
1,000  cu.  yds.  of  loam  is  here  divided  into  the  entire  yardage  of 
the  item.  It  actually  cost  about  $0.33  per  cu.  yd.  of  loam  re- 
handled,  the  average  haul  being  about  500  ft.  each  way. 

Clearing.  Complete  data  on  the  cost  of  clearing  and  grubbing 
for  this  project  will  be  found  in  Gillette's  "  Clearing  and  Grub- 
bing." 

Steam  Shovels  and  Elevating  Graders  on  the  Belle  Fourche 
Bam.  Engineering  and  Contracting,  Oct.  7,  1908,  gives  the  follow- 
ing unit  costs  for  part  of  the  work  on  the  Belle  Fourche  Dam  that 
was  built  under  contract.  This  dam  is  built  across  Owl  Creek 
about  10  miles  northeast  of  Belle  Fourche,  So.  Dak.  It  is  115  ft. 
high  and  6,200  ft.  along  the  top. 

The  contract  was  let  in  Nov.,  1905.  After  placing  about  one- 
third  of  the  fill,  the  contractor  made  an  assignment  and  the  work 
was  taken  over  by  the  government. 

Borings  and  test  pits  at  the  dam  site  show  that  the  material 
is  homogeneous  and  compact.  An  analysis  of  the  earth  to  be 
used  in  the  dam  was  made,  and  from  this  the  location  of  the 
borrow  pits  determined.  The  material  is  an  adobe  clay,  very 
sticky  and  boggy  when  saturated,  but  bakes  very  hard  when  dry, 
and  it  is  hard  to  plow.  There  are  occasional  layers  of  sand  and 
shale  and  scattering  cobble  stones.  The  clay  is  readily  compacted 
and  is  nearly  impervious  to  water. 

The  dam  is  built  in  6-in.  layers  and  all  stones  larger  than  6  ins. 
in  diameter  are  excluded.  Neither  a  core  or  puddle  wall  is  used 
in  the  embankment  or  dike.  There  are  1,580,000  cu.  yds.  in  the 
finished  embankment. 

Sprinkling.  The  fact  that  Owl  Creek  runs  dry  in  summer  made 
it  necessary  for  the  contractor  to  store  water  for  use  in  compact- 
ing the  earth.  A  reservoir  was  built,  at  his  own  expense,  at  each 
end  of  the  dam.  Into  these  reservoirs  water  was  pumped  from 
the  creek  during  the  rainy  period.  The  rate  of  evaporation  hie- 
ing high,  much  more  water  than  actually  needed  for  compacting 
has  had  to  be  stored.  The  sprinkling  was  done  with  hose  con- 
nected on  the  elaborate  system  of  pipes,  laid  on  top  of  the  dam. 
When  there  was  water  in  the  creek  the  water  was  pumped  di- 
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rectly  into  the  system  of  pipes,  but  when  the  creek  was  dry  the 
reserved  supply  in  the  reservoirs  was  used.  -  Any  leaks  in  tha  pipes 
caused  troublesome  bogs,  as  the  adobe  clay  absorbs  water  quickly. 
On  the  other  hand,  when  dry,  it  pulverized  easily,  thus  causinj^ 
great  clouds  of  dust  on  windy  days.  Althougli  the  work  was  not 
interfered  With  on  account  of  rain,  it  had  to  be  suspended  during 
these  wind  storms,  as  neither  man  nor  beast  could  stand  the  dust. 
This  dust. so  affects  horses  and  mules  employed  on  the  reclama- 
tion service  that  many  of  them  get  a  lung  trouble  from  which 
they  quickly  die.    The  aridity  increases  the  cost  of  sprinkling. 

Another  condition  that  affected  the  cost  of  the  work  was  that 
the  surface  water  was  so  bad  for  boilers  that  the  contractor  was 
compelled  to  put  down  two  artesian  wells,-  each  1,430  ft.,  to 
supply  water  for  his  steam  shovels,  Ibconiotiyes,  traction  engines, 
rollers,  etc.  For  about  four  months  in  the  year  the  work  on 
the  earthen  dikes  had  to  be  shut  down,  owing  to  the  cold  weather, 
as  the  material  would  freeze  in  the  embankment.  All  trench 
excavation,  excavation  for  structures,  for  stripping  borrow  and 
gravel' pits,  and  for  trimming  embankments,  were  paid  for  extra. 

Amount  of  Work.  The  costs  below  include  the  cost  of  the 
ivork  done  by  the  contractor  during  the  years  1906  and  1907,  a 
total  of  504,000  cu.  yds.  Two  methods  were  used  in  this  work; 
one  being  steam  shovels  and  trains,  moving  305,000  cu.  yds.; 
while  the  other  was  by  elevating  graders  and  wagons,  excavating 
199,000  cu.  yds.  In  1906  one  steam  shovel  was  used,  while  in 
1907  two  shovels  were  worked. 

Cost  of  Outfit.  The  outfit  and  the  value  of  it  used  on  the  work 
tvas  as  follows: 

2  (75-toii)   Vulcan  steam  shovels $22,000 

6  (18-ton)   Davenport  dinkeys,   at  $3,100   18,600 

40  Western  4-yd.  flump  cars,  at  $230   9,200 

2  Standard,  Western  graders,  at  $1,200 2,400 

4  (32-l(p.  21-ton  traction   engines,   at  $3,500  14,000 

1  (12-ton)  Kelly  Springfield  roller 2,500 

4  Miles  of  track  complete  ,. 16,000. 

2  (6-horse)   road  machines^   $225    450  . 

24  (1%-yd.)  Aurora  wagons,  $120  : 2,880 

15 -Buck  scrapers,   $17.50 „,.„,  ,    263 

Pumps,   pipe,    camp,   miscellaneous  tools,   etc.    (est!)^.  11,7,07 

Total  plant    ,..,.  $100,,0Q0 

This  is  the  plant  that  was  on  the  work  at  the  end  of  1907,  but 
not  much  more  than  half  of  it  was  on  the  work  during  1906; 
hence,  if  we  figure  interest,  depreciation  and  repairs  at  2%  per 
month,  we  have  $12,000  for  1906  and  $24,000  for  1907,  or  a  total 
of  $36,000  for  the  two  years. 

Steam  Shovel  ^Yorl■.  The  method  of  carrying  on  thd  steam 
shovel  work  was  as  follows:  Two  75-ton  Vulcan  steam  shovels 
equipped   with   2y2-yd.   dipper^   loaded   dirt   into   4-yd.    Western 
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dump  cars.  A  train  of  10  cars  were  pulled  oil  3-ft.  gage  tracks 
by  IS-ton  Davenport  dinkeys.  Two' dinkeys  pulled  the  trains  for 
each  shovel  and  an  extra  dinkey  spotted  cars.  The  cars  hauled 
3.1  cu.  yds.  place  measurement,  as  determined  by  100,000  loads. 
During  1906,  the  material  was  hauled  an  average  distance;  of  1 
mile  against-  a  2%  gi-ade,  while  in  1907  the  1-mile  haul  was  all 
down  grade,  the  maximum  grade  being  4%. 

Spreading.  The  tracks  on  the  enjbankments  were  so  arranged 
that  earth  was  spread  50  ft.  each  way  from  the  track.  The  layers 
were  made  6  ins.  deep.  As  the  dumping  of  the  whole  train  of  10 
cars  at  one  time  would  result  in  the  esi'rth  blocking  the  move- 
ment of  the  cars.  Only  alternate  cars  wefe  dumped,  and  then  the 
train  was  pulled  ahead  a  train  length  and  the  other  five  cars 
dumped.  As  the  cars  when  couj)led  measured  13  ft.,  center  to 
center,  this  meant  a  pile  of  earth  containing  3. 1  cu.'  yds.  every 
26  ft.  Each  pile  spread  made  about  138  sq.  ft.  of  embankment 
6  in?,  thick.  The  idea  pf,  dumping  alternate  cars  is  excellent  on 
embankments  of  this  character,  or  even  in  widening  railroad  em- 
bankments, as  it  makes  the  spreading  of  the  material  easier. 

At  first  the  attempt  was  made  to  spread  these  piles  of  earth 
with  a  Western  Embankment  Spreader,  but  the  dinkeys  were  not 
powerful  enough  to  handle  the  spreader  against  the  piles  of 
earth.  This  spreader  will  spread  the  earth  about  7  ft.  from  the 
rail,  so,  if  it  had  worked  successfully,  the  area  it  could  cover 
would  have  been  enough  to  spread  out  the  pile  of  earth  to  a 
thickness  of  6  ins.      '  " 

Six-horse  road  machines  were  then  tried,  but  they,  too,  prpyed 
a  failure  when  used  alone.  The  reason  for  this  was  that  the  ma- 
terial when  excavated  by  the  steam  shovel  came  out  at  times  in 
large  clods  or  lumps,  and  these  lumps  tossed  the  machine  around 
as  the  waves  of  the  sea  would  toss  a  small  boat.  Recourse  was 
then  had  to  buck  scrapers  to  do  the  preliminary  spreading.  These 
pulled  by  horses  spread  the  earth  out  roughly  for  a  distance  of 
50  ft.  on  each  side  of  the  track,  the  road  machine  finishing  off  the 
layers.  Three  layers  were  thus  spread  before  the  track  was 
shifted  into  a  new  position,  10  ft.  from  its  old  place. 

The  sprinkling  was  done  from  the  system  of  pipes  run  over  the 
reservoir  dike. 

The  rolling  was  done  by  a  32-hp.,  ^l-ton  traction  engine  and  a 
12-ton  Kelly  Springfield  road  roller.  The  great  weight  of  the 
engine  no  doubt  was  an  assistance  in  compacting,  but  unless  the 
tread  of  the  driving  wheels  of  the  engine  were  wider  than  the 
standard,  the  area  compacted  by  one  trip  of  the  engine  could 
not  compai;e  to  that  of  the  roller.  This  would  increase  the  cost 
of  the  rolling  over  using  a  roller  of  the  same  weight. 

Wages.     A  10-hr.  day  was  worked  by  the  contractor,  and,  owing 
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to  the  great  amount  of  construction  work  going  on  in  all  parts  of 
the  country  at  that  time,  the  labor  was  very  indifferent.  The 
shovel  men  and  train  crews  were  paid  standard  wages,  while  the 
laborers  were  paid  at  the  rate  of  $2.25  to  $2,50  per  day.  Horses 
were  paid  for  at  the  rate  of  $1.15  per  day.  This  cost!  covers  the 
care  and  feed  of  the  horse,  likewise  the  interest  and  depreciation 
on  the  animal,  and  explains. why  horses  are  not  listed  under  the 
head  of  outfit.  Coal  cost  delivered  on  the  work  $10.50  per  ton, 
40%  dynamite  by  the  car  load,  12%  cts.,  and  black  blasting  pow- 
der $1.20  per  keg.  :       ^.     , 

Cost  of  Work.  The  cost  of  the  work,  consisting  of  the  total 
pay  rolls,  the  cost  of  supplies  and  estimated  interest,  depreciation 
and  repairs,  was  as  follows: 

Labor $71,163.44 

Supplies .'  .i 22,827.08 

Interest,  depreciation  and  repairs  (estimated)^ ■,      30,000.00 

Total    $123,990.52 

This  cost  includes  superintendence,  camp  expense,  general  ex- 
pense, and,  in  fact,  all  direct  and  indirect  cost  of  doing  the  work. 
The  overhead  charges  were  about  10%  of  the  total  cost.  This  cost 
is  distributed  over  the  unit  costs  given  below. 

The  steam  shovels  excavated  per  day  an  average  of  961  cu.  yds., 
which  is  an  excellent  record  to  maintain  for  so  long  a  period. 
The  cost  of  supplying  the  water  for  engines  and  sprinkling  has 
been  included  in  the  items  given  and  in  the  unit  costs  given  below, 
has  been  properly  distributed.  The  cost  per  cu.  yd.  was  as 
follows : 

Excavation ; 

Labor $0,047 

Supplies     0.027 

Total  excavation  .^ 0.074 

Hauling ; 

Labor  on  train $0,037 

Labor   on   track    ^. 0.012 

Supplies     0.035 

Total    hauling    $0,084 

Spreading : 
Labor $0,118 

HoUing : 

Labor    $0  006 

Supplies     0.007 

Total   spreading    0.013 

Sprinkling ; 

Labor     |0.014 

Supplies     0.004 

Total  sprinkling $0,018 
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Plant: 
Interest,  depreciation  and  repairs   (estimated) $0,098 


Grand  total   J0.405 

Spreading  Earth.  This  is  a  high  coat  for  earth  excavation  of 
this'class,  even  under  the  adverse  conditions  under  which  the  work 
has  been  done.  This  cost  is  among  the  highest  for  earthen  em- 
bankments for  reservoirs  so  far  built  by  the  Reclamation  service. 
The  high  price  of  coal  has  added  to  the  cost  of  loading,  hauling, 
and  compacting,  but  a  glance  at  the  unit  cost  shows  thajt  the 
spreading  of  the  earth  on  the  embankment  was  too  costly.  One 
of  the  high  officials  of  the  Reclamation  Service  stated  that  the 
contractors  on  this  work  lost  money,  having  been  hampered  by  a 
shortage  of  funds  and  inefHcient  superintendents.  The  contract 
price  for  the  embankment  was  28  cts.per  cu.  yd.  so  about  12  cts. 
per  cu.  yd.  was  lost  on  this  part  of  the  work.  The  spreading  cost 
about  12  cts.  It  should  have  been  evident  to  any  one  that  such  a 
cost  was  ruinous,  as  this  work  on  reservoir  construction  seldom 
costs  more  than  2  cts.  per  cu.  yd. 

On  the  upper  Deer  Flat  eipbankment,  on  the  Payette-poise 
project,  an  embankment  of  about  1,000,000  cu.  yds.  was  built  with 
cars  and  steam  shovels  and  the  cost  was  less  than  2  cts.  per  yd. 
for  spreading.  Here  the  track  was  moved  away  from  the  earth, 
after  the  ears  were  dumped,  with  teams  of  heavy  horses,  when 
road  machines  did  the  spreading,  two  machines  spreading  about 
300  cu.  yds.  per  hour.  The  track  lies  flat  on  the  ground,  and  is 
well  spiked  to  6x8  ties.  It  stands  the  rough  usage  very  well. 
The  total  cost  for  this  spreading  work  up  to  1908  was  1.9  cts. 
per  cu.,  yd.,  although  in  some  months  the  cost  had  been  as  low 
as  1.4  cts. 

It  is  true  that  at  the  Upper  Deer  Flat  embankment^  the  earth 
was  free  from  large  clod's,  .but  even  if  the  clods  that  hampered 
the  work  at  Belle  Fourche  had  been  broken  up  by  men  with 
sledges  or  mauls,  so  as  to  make  it  possible  for  the  road  machines 
to  do  the  spreading,  the  extra  cost  for  breaking  the  clods  would 
not  have  amounted  to  more  than  a  cent  or  two  per  cu.  yd.,  and 
it  would  have,  been  less  than  that  had  they  used  a  spiked  disc 
harrow. 

Elevating  Orader  Work  and  Hauling.  Two  Western  Standard 
elevating  graders  were  used  on  the  work,  propelled  either  by  16 
horses  or  21-ton  traction  engines.  As  a  rule  the  engine  is  the 
cheaper  method.  These  graders  loaded  Aurora  dump  wagons, 
having  a  capacity  of  1%  cu.  yds.  The  load,  place  measurement, 
actually  carried  was  1 1  cu.  yds.,  as  derived  from  a  record  of 
100,000  loads.  Three  horses  were  used  on  these  wagons,  24 
wagons  being  used  to  serve  the  two  graders,  the  avera,ge  haul 
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being  about  1,300  ft.  The  use  of  three  horses  to  a  wagon  is  to 
be  commended.  The  extra  cost  is  entirely  in  the  horse,  which  in 
this  case- amounted  to  $1.15  per  day,  and  the  larger  load  carried 
with  the  other  expenses  of  the  work  fixed,  means  that  the  extra 
cost  of  the  horse  is  soon  paid.  With  only  2  horses,  either  the 
IcJad  would  not  have  been  as  large,  the  number  of  tripi  would 
have  been  reduced,  or  smaller  and  less  loads'  would  have  been 
hauled.  As  it  was,  each  wagon  averaged  about  42  trips  per  day, 
traveling  a  distance  over  the  lead  of  about  10  miles.  Considering 
the  distance  covered  iii  following  the  grader  and  in  turning,  ho 
doiibt  tHe'  total  distance  traveled  per  day  would  equal  15  miles.  ' 

The  elevating  grader,  to  a  great  extent,  pulverizes  the  earth  ais 
it  excavates  it,  hence  in  spreading  no  trouble '  waS  experienced 
-with  clods  or  lumps.  This  allowed  the  road  machine  to  do  the 
spreading' without  assistance,  wKich'  confirms  our  statement  that 
some  form  of  clod  breaker  would  have  easily  solved  the  problem 
of  disposing  of  the  clods  that  came  frorn  the  steam  shovel  ^ork. 
The  sprinkling  and  rolling  was  done  as  described'  under  steam 
shovel  work.  ^ 

The  wages  paid  for  men'  and  horses  are  given  above,  alsb  the 
cost  of  coal  and  other^upplies.  ' 

The  Cost  of  Gradei-  Work.  The  total  cost  of  the  elevating 
grader  work  was: 

Labor ;...'..  I $41,530.92 

Supplies    .1 ,,....,      4,468,24      . 

Interest,^  depreciation  and  repairs  (Estimated) 6,000. Ob    , . 

Total I, $51,999.12 

This  includes  all  costs,  direct  and' indirect.'  The  superintend- 
ence and  overhead  charges  were  about  12%  of  the  total.  _  Each 
grader  loaded  556  cu.  yds.  per  day.  The  rOad  machine  spread 
-about  150  cu.  yds.  per  hour.  ,    i      .    (^ 

The  costfer  cu.  yd.  of  the  grader  work  was  aS  follows:  "' 

Exeavating : 

Labor    , , , ". $0,047 

Supplies     , 0.012 

Total    excavating    7 $0,059 

'  Hauling:   '       ./ 

Labor    ;.i.j $0,126 

Spreading: 
Labor  '  .■ : $0,016 

Boiling : 

Labor    '.....' IjO.OOS 

'  Supplies     0.008 

Total  rolling ,;  $0,016 
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Sprinklinff : 

Labor^   $0,011 

Supplies 0.003 

Total  sprinkling   ,....,,;.. i., ...,  JO.OW,  i': 

Plant;                                                          ^ 
Interest,  depreciation  and  repairs   (estimated)  i $0,030 

Grand    total    ., $0,261 

It  will  be  ^noticed  that  the  spreading  in  this  case  cost  1.6  cts. 
The  wagons  deposited  the  loads  9  ft.  apart  in  windrow's  7  ft. 
apart,  and  the  road  machine  spread  it  from  these  piles.  This  is 
real  spreading,  while  in  the  case  of  thejsteam  shovels  the  "  spread- 
ing "  consisted  first  of  rehandling  and  then  spreading.  It  is 
possible  to  spread  earth  very  evenly  with  buck  or  Fresno  scrapers, 
so  that  no  other  work  on  it  is  necessary. 

The  Cold  Springs  Earth  Dam,  Oregon.  D.  C.  Henry  in  En- 
gineering and  Contracting,  May  24,  1911,  gives  the  following: 

The  Cold  Spring  Dam  is  part  of  the  works  of  the  Umatilla 
project  of  the  United  States  Reclamation  SerViee.  The  principal 
dimensions  of  the  dam  are: 

Greatest  height  above  bottom  of  creek  channel,  f t. . . .  99      . , 

Height  above  valley  bottom,    ft 88 

Width  of  valley  on  center  line  of  dam,  ft 400 

Length  of  crest  of  dam,  ft i 3,800   .     - 

Top   width,    ft 20 

Length -of  spillway,   ft 330 

Up-stream  slope    ■  3:1 

Down-stream  slope   2:1 

Total  volume  of  dam,  cu.  yds 673,200 

Available  Material  for  Dam  Construction.  There  were  availaj)l;e 
within  reasonable  distance,  the,  following  classes  of  material: 
( 1 )  Basaltic  rock,  hard  and  sound,  reaxlily  blasted,  and  quite  suil^- 
able  for  rip-rap;  f2)  gravel  in  deep  hillside  deposits- on. the  north 
side  of  the  canyon,  %  mile  below  the  ^am;  (3)  fine  sandy  loajm, 
most  readily  availa,ble  in  any  direction,  for.  use  in  the  embank- 
ment; (4)  pure  volcanic  ash,  in  occasional  .strata  and  in  small 
quantities;  (5)  indurated  clay  deposits,  principally  at  the  north 
end  of  the  dam,  and  limited  in  area;  (6)  sand  and  gravel  in 
deeper  strata  underlying  the  surface  soil,  awd  ,to  some  extent  in- 
durated. ,,:■.;  .     .,    i'     i  .1      ■ 

The  first  three  were  the  only  materials  that .  could  Jt)e  obtained 
in  large  quantities  jvithout.  extensive  stripping.  After  study  and 
experimentation  wjth  ,  these  materials,  gravel  was  selected.  Sta- 
bility was  secured  by  the  use  of  gravel  throughout  the  entjire 
section  of  the  dam;  water  tightness  by  an  admixture  of  finpsil'- 
soil  in  the  upstream  portion ;  and  perfect  drainage  by  the  use  of 
\iivB>^xed  ijravel  in  the  downstream  portion. 
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The  cut-off  trench  across  the  bottom  of  the  canyon  is.  2  ft.  deep 
and  30  ft.  wide  at  its  connection  with  bed  rock.  It  reduces  in 
depth  and  width  up  the  hillsides  until  it  is  6  ft.  deep  and  has  a 
bottom  width  of  10  ft.  at  the  ends  of  the  dam.  To  retard  the 
flow  along  the  plane  of  contact  with  bed  rock  a  thin  cut-off  wall, 
7  ft.  high,  was  constructed  on  the  center  line  of  the  trench,  across 
the  canyon,  reducing  in  height  up  the  side  hill.  Five  addi- 
tional walls  were  built  on  the  north  hillside  where  the  rock  was 
exposed. 

Provision  was  made  for  drainage  by  a  gravel-filled  trench 
along  the  entire  downstream  toe  of  the  dam  with  tile  drain,  and  a 
network  of  additional  trenches  under  the  high  portion  of  the 
dam,  consisting  of  a  parallel  trench  120  ft.  up  stream  from  the 
water  toe,  with  cross  trenches  every  100  ft. 

Method  of  Construction.  The  design  called  for  the  handling  of 
approximately  490,^00  cu.  yds.  of  gravel  from  the  gravel  pit  in 
the  north  canyon  side,  about  %  mile  below  the  dam,  for  the  ex- 
cavation of  191,000  cu.  yds.  of  loam  or  subsoil,  to  be  obtained 
mostly  from  the  slopes  within  the  reservoir,  and  for  about  36,000 
cu.  yds.  of  rock  pitching,  to  be  placed  on  both  slopes- 

The  gravel  was  excavated  with  a  70-ton,  Model  No.  60,  Marion 
steam  shovel,  with  2%  cu.  yd.'  bucket.  The  rolling  stock  con-, 
sisted  of  fifty  4-yd.  side-dump  cars  and  five  16-ton  American  loco- 
motives running  on  a  3-ft.  gage  track  of  35-lb.  rails.  The  aver- 
age distance  of  gravel  haul  was  2%,  miles  and  the  maximum  grade 
was  1%%.  The  gravel  in  the  pit  rose  to  from  30  to  60  ft.  above 
the  shovel  and  was  in  places  overlain  with  considerable  soil,  ren- 
dering it  necessary  to  watch  the  proportions  of  soil  and  gravel  as 
they  came  on  the  cars  to  the  dump. 

The'  shovel  was  served  by  four  gravel  trains  of  from  9  to  12 
cars  each,  which  handled  on  an  average,  including  moving  and 
delays,  about  1,600  cu.  yds.  per  shift  of  8  hours,  the  output  per 
shift  occasionally  exceeding  2,200  cu.  yds.  The  total  rise  from 
the  steam  shovel  to  the  top  of  the  dumping  trestle  was  65  ft., 
and  the  coal  consumption  per  locomotive,  for  1,149  shifts  of  8 
hours,  averaged  2,400  lbs.,  coal  being  obtained  from  the  Kem- 
merer  mines  in  Wyoming. 

The  gravel  was  delivered  on  the  dam  by  dumping  from  a  trestle, 
65  ft.  high,  built  across  the  canyon,  with  its  center  line  about  60 
ft.  down  stream  from  and  nearly  parallel  to  the  center  line  of  the 
dam.  The  entire  trestle  came  within  the  100%  of  the  gravel 
section,  and  the  posts  were  left  buried  in  the  gravel,  but  all  brac- 
ing'was  removed  as  the  work  progressed. 

The  fine  subsoil  or  loam  was  obtained  from  various  sources  as 
follows : 
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From    surface    layers    overlyins    the    gravel    in    the 

gravel  pit   > j 100,000 

From  borrow-pits  on  the  side-hill,  up  stream  from  the 

dam    108,600 

From  the  feed  canal  and  trenches .-. 4Ci,700 

From  the  spillway  channel 17,700 

Tota.    cu.   yds , 267,000 

The  loam  from  the  gravel  pit  was  handled  in  the  same  manner 
as  the  gravel.  The  loam  from  the  borrow  pits  was  handled  by 
wheel  scrapers  up  to  distances  of  500  ft.  ( 22,300  cu.  yds. ) ,  and  by 
dump  wagons  loaded  by  an  orange-peel  excavator  for  greater  dis- 
tances up  to  2,000  ft.  (86,300  cu.  yds.).  The  loam  from  other 
sources"  was  moved  by  scrapers,  only  that  portion  excavated  from 
trenches,  etc.,  being  used  which  was  found  suitable,  the  remain- 
der being  wasted. 

Spreading  and  Rolling.  The  loam  was  delivered  first,  in  its 
proper  proportions,  and  spread  by  a  road  scraper,  after  which 
gravel  was  spread  over  it,  being  scraped  by  Fresno  scrapers  from 
the  foot  of  the  gravel  dump  near  the  trestle.  The  materials  were 
mixed  at  first  with  disk  harrows  and  subsequently  with  culti- 
vators, the  points  of  which  scraped  over  .and  into  the  top  of  the 
previously  mixed  and  rolled  layer,  after  which  the  material  was 
watered  and  rolled,  producing  a  final  layer  of  from  4  to  5  ins. 
compacted  into  a  hard  mass  which  required  picking  to  excavate. 
Constant  watch  was  kept  of  the  thoroughness  of  the  mixing 
process  by  excavating  test  pits.  It  was  found  impossible  to 
secure  complete  mixing  at  all  times.  Unmixed  gravel  was  no- 
where found,  but  in  some  places  fine  streaks  of  loam  had  been 
left  unmixed  with  gravel,  in  spite  of  every  effort  to  avoid  it. 

The  gravel  in  the  100%  gravel  section  was  not  rolled  to  a  large 
extent  and  was  not  watered.  When  the  gravel  dump  had  reached 
the  height  of  the  trestle,  the  track  was  raised  by  grading  up  until 
the  full  height  of  the  dam  was  attained. 

Riprap.  The  rock  for  slope  pitching  was  obtained  from  the 
rocky  basalt  bluff  on  the  north  side  of  the  canyon,  a  short  dis-, 
tance  below  the  dam.  It  broke  up  in  fragments  from  1  cu.  ft.  in 
volume  down.  A  part  of  it  was  loaded  by  an  orange-peel  exca- 
vator, but  most  was  handled  from  wheelbarrows  into  dump  cars. 
It  was  hauled  by  rail,  dumped  on  the  slopes  from  the  dump  cars 
and  sloped  by  hand.  The  total  required  was  36,000  cu  yds.  The 
construction  of  the  auxiliary  structures  contained  no  elements  of 
special  interest. 

The  work  on  the'  installation  of  the  plant  was  commenced  in 
December,  1906.  The  first  gravel  was  dumped  in  May,  1907,  and 
the  dam  was  completed  on  January  1,  1908. 

Shrinkage.    The  design  of  the  dam  calls  roughly  for  one-third 
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of  the  mass  100%  gravel,  one-third  50%  gravel,  and  the  remaining 
third  67,  75  and  80%  gravel.  Laboratory  tests  indicated  a 
shrinkage  of  about  10%  for  the  various  mixtures,  and  from  this 
it  was  figured  that  there  would  be  required  490,000  cu.  yds.  of 
gravel  and  191,000  cu.  yds.  of  loam,  or  a  total  of  681,000  cu.  yds., 
to  make  the  637,000  cu.  yds.  of  compacted  dam. 

The  actual  quantity  of  gravel  excavated  corresponds  closely  to 
the  estimate,  but  the  quantity  of  soil  handled  was  76,000  cu.  yds. 
in  excess  of  that  figured.  This  large  excess  must  be  principally 
attributed  to  the  difiiculty  of  keeping  the  soil  and  gravel  apart  in 
the  gravel  pit,  and  may  be  partly  due  to  the  occurrence  of  vol- 
canic ash  or  dust  in  the  delivered  soil,  which  may  not  havp  as- 
sisted in  swelling  the  quantities.  The  proportion  of  loam  in  the 
gravel,  where  it  came  unavoidably  mi.Ked  with  gravel  from  the 
gravel  pit,  may  have  been  underestimated,  and  it  is  quite  probable 
that  much  of  the  grayel,  whicli  from  all  appearances  contained  no 
soil,  may  have  held  proportions  of  from  .J  to  10%.  While  the 
excess  soil  has  added  to  the  cost,  it  can  hardly  be  deemed  injuri- 
ous as  regards  the  drainage  qualities  of  the  gravel  or  its  stability, 
and  it  has  also  added  to  its  mass  weight. 

Cost.  The  total  co^i  of  the  dam,  arranged  by  its'  principal 
fea,tures,  is  shown  in  the  following  tabulation: 

Main   dam    , $364,140 

Auxiliary  structures: 

-  Inlet  works   16,140 

Outlet  works 19,710 

Spillway 35,010 

$  70,860 
Preliminary  engineering   .^ 5,000 

Total,  49,000  acre-ft.,   at  $8.98  per  acre-ft $440,000 

General  administration,  engineering  and  supervision,  other  than 
preliminary  engineering,  are  included  in  the  above  figures. 

The  principal  details  of  the  cost  of- the  main  dam  are  as  fol- 
lows : 

Embankment    (yardage,  on   basis    of   excavation   measurement) : 
Material  from  gravel  pit;    Gravel,  490,000  cu.  yds.; 
,     earth,  100,000  cu.  yds.;  total,  690,000-"ou,  yds.,  at 

»0.386     • :  $227,020 

Material  from  borrow-pits,    spillway   and  trenches: 
Earth,   86,300  cu.  yds.,  orange-peel  excavator,  36.1 

cts.     ;. 31.120 

80,700  cu.  yds.  wheel  scraper  at  19.4  cts 15,630 

Rip-rap  — 

From  quarry,  32,500  cu.  yds.  at  $1.46 47,480 

From  trenches,  3,400  cu.  yds.  (charged  to  exca\ation). 
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Excavation  — 
Earth    from   trenches,   spillway,    etc,,   temporarily   or 

permanently  wasted,  34,400  cu.  yds.  at  $0.293 10  060 

Hardpan  or  loose  rock,  6,600  cu.  yds.  at  $1.37 9'o20 

Solid  rock,  4,000  cu.  yds.  at  $2.84 ;. 11340 

Concrete  cut-off  walls,  327  cu.  yds.  at  $13.79...           "  4' 510 

Drainage,  including  all  work  to  July  1,  1910 ."  7960 

'■'"**'    J364;i40 

A  further  analysis  of  the  two  principal  items  may  be  of  in- 
terest : 

Embankment:    Material  from  gravel  pit,   590,000  cu.  yds. 

Steam-shovel    excavation:    Rail    haul,    average    distance    2^ 
miles,   average  rise  65  ft. 
Cts.  per  cubic  yard,  measured  in  excavation: 
Steam  "shovel    ,.,    3_g 

Transportation : 

Kailroad    operation    5,5 

Track    maintenance    ',,    1  j 

Total Ti 

Work  on  dam: 

Scraping,  spreading  and  mixing   '.  8.2 

Sprinkling    0.2 

Boiling    , , 0.5 

Water  supply 0.7 

Total    ' , 9.6 

Plant  -depreciation    10.4 

Plant  maintenance    0,4 

Total     10.8 

General    supplies    1.8 

Camp   shops,   warehouses    1.2 

Cleaning  up,  transfer  of  plant  0.6 

Engineering,    administration   and  general  expenses 3.7 

G-rand  total,    ct§.   per   cu.   yd 38.5 

Embankment:    Material  from  borrow-pits,   86,300  cu.  yds.  orange-peel  exca- 
vator,  wagon  haul,   500  to  2,000  ft. 

Ots.  per  cubic  yard,  measured  in  excavation: 

Excavation     13.1 

Wagon   haul    6.9 

Sprinkling 0.4 

RoUing    ...' .0.7 

Water    supply    ; 0.8 

Plant   depreciation    8.6 

Plant  maintenance   0.4 

Total 8.9 

General   supplies    ■ 1-1 

Gamp,  shops  and  warehouses  1.2 

Oleaning  up,  transfer  of  plant  . : 0.5 

Engineering,  administration  and  general  expenses 2.5 

Grand  total,   cts.  per  cu.  yd 36.1 
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The  cost  of  gravel  and  earth  for  the  main  embankment,  based 
on  bank  measurement,  is  higher  than  the  foregoing  figures  indi- 
cate, by  reason  of! heavy  shrinkage,  and  is  shown  -as  follows: 

jiaterial  from  gravel  pit,  590,000  cii.  yds.  at  3S.5  cts...  $227,020 
llaterial' from    borrow-pits,    etc.,    l67,000_cu.   yds.    at 

28.0    cts. 46,750 

Total,  .757,000  cu.^  yds.  at  36.2  cti $273,770 

Embankment  measurement,  637,000  cu,  yds.  at  43.0  cts. 

The  prices  paid  for  labor  per  8-hr j  day  and  fuel  were  as  fol- 
lows 

Common  labor $1.60  to  $2.10 

Teamsters    2.40  to  2.60 

Teamsters;  with  ■  team  ■ 4.50 

Steam-shovel  engine  men   6.20 

Cranesmen    4.00 

Locomotive  -en^ne  men   3.60 

Carpenters $3.60  to  4.00 

Goal,  per  ton,  on^work  i... 8.63 

Construction  of  the  Kachess  Lake  Sam.  Engineering  News, 
Ma.y  15,  1913,  describes  the  construction  of  an  earth  dam  65  ft. 
high  and  1,400  ft.  long,  built  across  the  Kachess  River  in  Wash- 
ington by  the  United  States  Reclamation  Service.  The  dam  has 
a  top  width  of  20  ft.  The  upstream  slope  is  3  to  1,  the  down- 
stream slope  2  to  1 .  To  prevent  percolation  a  wide  cut-off  trench 
about  20  ft.  deep  was  excavated  parallel  with  the  axis  of  the 
dam  and  from  20  to  60  ft.  upstream  from  the  center  line.  In 
the  bottom  of  this  trench  a  narrower  trench  was  excavated  to  a 
depth  of  from  35  to  75  ft.  below  the  original  ground  surface  and 
in  it  a  concrete  core-wall,  2  ft.  thick,  was  built,  extending  up  to 
the  original  surface  of  the  ground.     See  Fig.  22.. 

Cutoff  Trench.  The  wide  cutoff  trench  was  excavated  with 
teams  and  the  •  drag-line  excavator.  The  portion  west  of  dam 
conduit  was  done  wholly  with  teams  and  was  pushed  to  permit 
the  starting  of  the  core-wall  trench.  The  higher  portion  of  the 
trench,  east  of  the  dam  conduit,  was  done  by  teams.  When  water 
was  encountered  it  was  left  for  the  excavator.  The  drag-line 
excavator  deposited  the  material  at  the  upstream  toe  of  the  dam, 
making  an  excellent  footing  for  the  riprap,  also  disposing  of  the 
material  with  one  handling.      ' 

Deep  Core-Wall  Trench. — The  excavation  of  the  core-wall  trench 
was  commenced  early  in  July,  1911,  west  of  the  dam  conduit. 
The  upper  few  feet  were  shoveled  into  wheelbarrows  and  wasted. 
Shafts  were  excavated  ahead  of  adjacent  portions  of.  the  trench, 
then  the  excavation  was  carried  in  horizontal  benches  about  7  ft. 
high.  One  or  two  men  worked  on  each  bench,  loading  the  material 
into  wheelbarrows,  wheeling  it  along  the  bench  to  the  side  of  the 
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shaft  and  dumping  it  into  a  vertical  chute  that  carried  the  mate- 
rial to  a  wood  bucket  of  %  cu.  yd.  capacity,  heavily  ironed  and 
operated  from  the  head  frame.  When  filled,  the  bucket  was 
hoisted  to  the  head  block,  where  a  simple  device  dumped  the 
muck  into  a  1%-cu.  yd.  car,  in  which  it  was  hauled  by  one  horse 
to  waste  dump.  A  double  drum  hoist  was  used  which  enabled 
two  shafts  to  be  worked  by  one  hoisting  engineer.  This  method 
allowed  a  number  of  men,  working  at  different  levels,  on  plat- 
forms laid  on  trench  bracing,  to  work  from  each  shaft. 

It  was  intended  to  carry  thia  trench  to  bed  rock  but  the  entire 
excavation  was  in  such  uniformly  good  material  that  it  was  con- 
sidered unnecessary  to  go  so  deep.  The  maximum  depth  reached 
was  near  the  westerly  end  which  was  carried  to  75  ft.  below  the 
original  ground  surface.  The  material  stood  so  well  that  gen- 
erally the  excavation  could  be  carried  about  10  ft.  without  sheet- 
ing. 

As  the  core-wall  was  to  be  only  2  ft.  thick,  and  it  was  difficult 
to  carry  the  excavation  narrower  than  4  ft.,  the  downstream  side 
was  carried  true  to  line,  so  that  the  sheeting  on  that  side  could 
remain;  and  also  to  give  room  to  remove  the  forms  from  the 
upstream  side. 

Material  for  the  embankment  was  taken  from  a  borrowpit 
1,000  ft.  from  the  east  end  of  the  dam. 

A  second  borrowpit  for  loose  material  was  opened  2,500  ft. 
from  the  east  end  of  the  dam. 

Trestle.  It  was  decided  to  depend  on  rolling  to  consolidate  the 
dam,  carrying  material  from  the  borrowpit  in  cars,  A  trestle  800 
ft.  long,  of  which  300  ft.  averaged  60  ft.  high,  was  built  of  sound 
timber  saved  from  the  clearing.  Sawed  timber  was  used  for  caps 
and  stringers  to  save  time  of  erection.  The  bents  were  20  ft. 
apart,  three  posts  to  a  bent.  The  trestle  was  located  practically 
on  the  center  line  of  the  dam,  with  the  base  of  rail  at  the  pro- 
posed crest.  It  was  double  tracked  with  30-lb.  steel  rails,  24-in. 
gage.  A  double  track  was  laid  to  the  borrow  pit  for  tight  mate- 
rial and  a  single  track,  with  sufficient  turnouts,  to  the  borrowpit 
for  loose  material.  Prom  the  west  end  of  trestle  a  single  track 
was  extended  about  300  ft.  on  a  road-bed  made  with  teams  and 
beyond  this  point  the  material  was  hauled  by  teams. 

Steam  Shovel  Work.  While  the  trestle  was  being  constructed, 
the  borrowpits  prepared  and  track  laid,  the  cutoff  and  conduit 
trenches  were  backfilled;  The  hai  i  work  of  filling  in  cramped 
quarters  had  been  done  the  previous  season.  The  steam  shovel 
was  nioved  to  a  25-ft.  bank  of  fine  material  just  east  of  the  outlet 
of  the  small  conduit.  Temporary  tracks  were  laid  and  the  filling 
was  done  by  loading  1%-cu.  yd.  cars  with  steam  shovels  and 
hauling  them   by   teams.    The   trenches   cont?iin?d   soijie  water, 
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The  material  was  dumped/  then  worked  into  the  water  and  pud- 
dled. When  the  fiUgot  sufficiently  dry  to  permit  of  using  teams, 
the  spreading  was  done  with  slips  and  fresnos. 

About  May  1  the  trestle  was  ready  for  use,  the  shovel  was 
moved  to  the  borrowpit  east  of  the  dam  and  the  construction  of 
the  embankment  proper  commenced.  The  pit  had  previously 
been  cleared  and  some  blasting  done.  The  material  from  this  pit 
was  loaded  into  trains  of  15  IVg-eu.  yd.  side-dump  cars,  hauled  by 
9-ton  steam  locomotives.  It  was  dumped  from  the  upstream  side 
of  the  trestle,  falling  to  the  ground  below.  At  first  the  material 
fell  inside  the  outer  posts,  but  the  addition  of  a  deflecting  apron 
7  ft.  long,  covered  with  sheet  iron,  caused  it  to  fall  just  outside 
the  posts. 

Spreading  and  Rolling.  Spreading  was  done  with  fresnos  of 
four-horse  size,  but  usually  drawn  by  three  large  horses  or  mules. 
It  was  found  after  the  work  became  systematized  that  one  fresno 
would  distribute  about  115  cu.  yd.  of  the  tight  material  in  eight 
hoursj  The  gravel  or  loose  material  was  loaded  by  the  drag-line 
excavator  into  a  specially  constructed  hopper,  of  40-cu.  yd.  ca- 
pacity, mounted  on  skids  for  moving  and  fitted  with  two  chutes 
and  controlling  gates,  which  enabled  two  cars  to  be  loaded  at  a-- 
time.  It  was  hauled  in  trains  of  twelve  cars,  dumped  from  the 
downstream  side  of  the  trestle  and  spread  with  four-horse  fresnos. 
One  fresno  woa.ld  spread  from  150  to  175  ou.  yd.  of  gravel  in  eight 
hours,  the  haul  being  much  shorter  than'  for  the  tight  material 
and  the  gravel  more  easily  loaded. 

On  account  of  the  small  working  space  of  the  embankment, 
difficulty  was  at  first  experienced  in  spreading  the  material  as 
fast  as  it  came  in,  but  while  the  capacity  of  the  machines  was 
never  taxed,  a  system  was  soon  devised  whereby  it  was  kept  pretty 
wfell  cleaned  up.  About  ten  trains  would  be  dumped  in  one  pile, 
then  another  pile  of  ten  train  loads  would  be  made,  near  the  first 
pile,  leaving  only  room  for  a  roadway  between,  then  a  third  pile 
adjacent  to  the  second.  While  the  second  pile  was  being  made, 
the  first  pile  would  be  spread  and  stones  picked  from  the  second 
pile;  then  while  cars  were  dumping  on  the  third  pile,  the  stones 
would  be  picked  from  it  and  the  second  pile  spread.  In  this  way 
there  was  no  waiting  and  no  confusion,  the-  roller  working- on 
the  area  previously  spread.  The  tight  material  occupied  the 
upstream  two-thirds  of  the  dam  (Fig.  22)  and  the  gravel  in  the 
downstream  third;  it  was  handled  in  the  same  way  except  that  it 
spread  much  easier,  and  the  piles  did  not  req  ire  plowing,  which 
was  necessary  with  the  tight  material,  the  impact  from  fallin", 
particularly  in  the  lower  levels  of  the  embankment,  compacting 
this  material  very  tightly. 

The  tight  material  was  spread  in  8-in.  -layers  and  all  stones 
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exceeding  4  ip.  picked  out,  loaded  into  one-horse  dump  carts,  and 
placed  on  the  upstream  slope.  A  road  grader  was  on  the  work 
but  the  fresnos  spread  the  material  so  evenly  it  was  not  used. 
The  layer  \yas  then  sprinkled  by  a  2-in.  hose  with  %-in.  nozzle, 
the  amount  of  water  varying  greatly  and  depending  on  the  weather 
and  the  material.  The  tendency  at  first  was  to  use  too  mudh 
water,  which  produced  a  kneading  motion  in  front  of  the  roller. 
Carefully  watching  conditions  and  reducing  the  amount  of  water, 
sprinkling  often  with  a  rather  fine  spray,  corrected  this  condi- 
tion. The  rolling  was  done  with  an  ordinary  16 14 -ton  traction 
engine.  Extension  rims  on  tlie  driving  wheels  gave  a  rear  wheel 
base  of  56  in.  Assuming  that  they  carried  two-thirds  of  the 
weight,  the  pressure  per  lin.  in.  was  about  400  lbs.     This  engine 
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seemed  about  the  right  weight  for  the  materials  and  an  excellent 
embankment  was  obtained. 

It  was  found  that  the  compacted  layer  was  slightly  less  than 
6  in.  in  thickness.  Test  pits  were  p.t  down  frequently  an-d  at 
predetermined  points,  in  order  to  have  a  complete  record  of  the 
behavior  of  the  material,  to  determine  whether  or  not  the  proper 
amount  of  water  was  being  used,  arid,  in  general,  to  indicate 
whether  there  was  anything  to  be  guarded  against  or  improved. 
No  stratification  was  apparent;  the  only  adverse  criticism  to  be 
made  was  that  certain  layers  that  had  been  exposed  to  rain 
showed  a  little  too  much  water. 

The,  gravel  was  spread  in  a  similar  manner  except  that  small 
stones  were  not  so  carefully  picked  out.  The  rolling  was  done  by 
a  grooved  roller  drawn  by  four  horses  and  more  water  was  used 
than  on  the  upper  side.  The  stones  picked  out  w«re  placed  on 
the  downstream  slope.  The  junction  of  loose  and  tight  material 
was  approximately  at  the  downstream  posts  of  trestle  bents. 

Progress.  To  place  the  large  amount  of  material  in  the  short 
season  available,  the  small  area  of  the  dump  preventing  the  crowd- 
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ing  of  the  machines,:  the  shovel  and  embankment  work  was  car- 
ried in, two  8-hr.  shifts,  but  as  only  half  as  much  material  was 
required  from  fhe  excavator  it  only  operated  one  shift.  The  best 
run  of  the  shovel  was  1,105  cu.  yd.  and  «f  the  excavator  1,000 
cu,  yd.  fn  eight  hours.  The  embankment  was  practically  all 
placed  in  four  months. ,  All  trestle  bracing  was  taken  out  as  the 
fill  advancied,  nothing  being  left  in  but  the  posts.  When  within 
8  ft.  of  the  top,  the  grayel ,  portion  was  brought  up  about  6  ft., 
one  track  thrown  on  it,  the  balance  of  the  trestle  removed  and 
the  remainder  of  embankment  completed. 

1  The  earthwork  yardage  was;  Excavation,  ^  550,000 j  embank- 
ment, 182,000;  backfill,  32,000. 

Drainage.  A  very  complete  drainage  system  was  provided  to 
lead  off  harmlessly  any  water  that  may  find  its  way  into  the  dam. 
At  the  downstream  toe  is  a  generous  trench  from  6  to  10  ft.  wide 
at  the  bottom,  extending  the  entire  length  of  the  dam,  backfilled 
with  stone,  which  filling  is  also  carried  some  distance  up  the 
slope.  From  30  to  60  ft.  upstream  from  the  toe  is  a  12-in.  tile 
drain  laid  with  open  joints  in  a  trench  and  surrounded  with  2 
ft.,  of  small  stone;  this  drain  has  frequent  outlets  to  the  main 
drain  at  the  toe.  Should  water  succeed  in  "passing  through  the 
tight  material,  it  will  drop  in  the  gravel  portion,  which  contains 
praictically  no  clay,  and  escape  through  the  drains. 

Constructing  an  Embankment  for  Hill  View  Reservoir,  N.  T. 
The  construction  of  the  earth  embankment  for  the  Hill  View 
Reservoir,  New  York  City,  is  described  by  A.  W.  Tidd,  in  Engi- 
neerifig  News,  Sept.  9,  1915.  The  soil  formation  was  a  very 
dense,  glacial  drift,  containing  many  stones  and  boulders  but  no 
ledge  rock.  The  material  was  well  graded  from  a  coarse  sand 
down  to  a  very  iine  rock  flour,  excellent  for  a  reservoir  embank- 
ment. The  sides  of  steam  shovel  cuts  stood  perpendicular  for  two 
years  without  change-  other  than  the  scaling  off  caused  by  the 

'  action  of  frost. 

The  embankment  was  constructed  of  carefully  selected  and 
thoroughly  compacted  material,  and  backed  up  by  the  remainder 
of  the  excavated  material,  which  equals  and  in  many  places  ex- 
ceeds in  volume  that  of  the  especially  treated  portion.  The  em- 
bankment on  the  water  side  was  rolled  in  layers  not  thicker  than 
'4  in.  when  Compacted,  while  in  outer  portion  2-ft.  layers  were 
allowed.  This  outer  portion  was  formed  of  material  unsuitable 
for  the  special  impervious   (4-in.)   embankment. 

The  bonding  of  the  base  of  the  embankment  with  its  foundation 
was  done  with  extreme  care.  All  unsuitable  material  was  exca- 
vated and  removed,  and  from  the  finally  stripped  surface,  small 
boulders  and  all  stumps  and  large  roots  were  removed.  Large 
firmly  embedded  boulders  were  allowed  to  remain  if  there'-was 
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room  between  them  sufficient  to  operate  the  10-ton  steam  rollers. 
Trenches  were  either  backfilled  by,  hand-ramming  or  sloped  enough 
to  allow  the  roller  to  ride  into  and  across  theih.  Earth  was' 
placed  around  the  boulders  and  rammed  until  sufficiently  mounded 
to  permit  the  roller  to  ride  up  onto  them.  The  stripped  surface 
under  the  base  of  the  4-in.  embankment  was  thoroughly  scarified, 
usually  with  a  road  plow,  to  a  depth  of  3  or  4.  ins.,  and  a  tMn 
layer  of  embankment  material  was  deposited  and  rolled.  An 
excellent  bond  was  thus  effected  between  the  original  and  the 
fresh  material,  and  this  method  was  used  throughout  the  entire 
construction  of  the  embankment  whenever  work  was  started  on  an 
area  that  had  lain  untouched  for  a  time.  The  4-in.  layers  were 
then  started,  beginning  in  the  lowest  part,  keeping  the  fop  of  the 
embankment  practically  level. 

The  diunping  areas  were  restricted,  irregular  in  shape,  discon- 
nected, and  often  obstructed  by  boulders.  As  soon  as  possible, 
3-f-t.-gage  track  with  65-  to  70-lb.  rails  were  laid  on  the  embank- 
ment and  th'e  material  delivered  in  4-yd.,  side-dumping  cars,  in 
10-car  trains;  hauled  by  10  to  15-ton  locomotives.  The  tracks 
■vfere  laid  in  straight  stretches  as  long  as  possible ;  and  two  par^ 
allel  lines  were  used  until- the  embankment  became  too  narrow  to 
accommodate  them. 

Spreading  and  Rolling.  The  trains  were  dumped  in  succession 
along  the  full  length  of  the  track  and  the  material  spread  and 
leveled  with  a  spreader-car  into  a  layer  about  6  ins.  thick.  As 
soon  as  the  spreader-car  had  finished  (usually  in  four  trips)  the 
track  was  pulled  away  a  certain  definite  distance,  lined  up  ex- 
actly parallel  to  the  previous  position,  and  was  ready  for  trains 
again.  The  track  was  pulled  into  position  by  a  track  gang.  The 
amount  of  the  track  throw  was  determined  from  careful  obser- 
vations taken  on  the  compacted  layers,  for  each  layer,  when 
spread,  must  just  connect  with  the  edge  of  the  previously '  spread ' 
layer,  and  when  rolled  must  be  4  ins.  thick.  The  steamshpvel 
runners  became  expert  in  loading  the  cars  to  the  limit  and  at 
the  same  time  with  a  very  uniform  volume.  It  was  on  that  uni- 
formity of  volume  that  the  success  of  the  Whole  method  depended. 
The  system  worked  admirably.  The  track  throw  was  in  general 
14  ft.  The  spreader-car  was  not  able  to  spread  the  full  width 
even  when  counterweighted,  10  ft.  being'  about  its  limit,  so  the 
remainder  was  spread  with  a  4-horse  road  scraper.  A  stone  gang 
worked  continuously  picking  out  and  removing  the  boulders  and 
stones  larger  than  3  in.,  in  ordpr  to  allow  the  roller  to  get  onto 
the  layer  at  tie  earliest  possible  moment.  Here  again  the  steam 
shovel  runners  cooperated  by  avoiding  the  larger  boulders  when 
loading  for  the  4-in.  embankment: 

Ten-ton  rollers  with  grooved  front  wheel  and  cleated  side  wheels 


1208  HANDBOOK  OF  EARTH  EXCAVATION 

were  used.  They  were  run  back  and  forth  parallel  to  the  track, 
moving  over  the  width  of  the  side  wheel  about  18  ins.  each  trip, 
thus  making  four  rollings  on  eacfi  layer.  During  hot  weather  the 
material  required  sprinkling  to  insure  proper  bonding  and  thor- 
ough compacting.  ,  The  watering  was  done  by  an  ordinary  street 
sprinkling  cart  drawn  by  horses,  and  the  wkter  was  applied  to  the 
roller  layer  before  the  new  layer  was  dumped.  A  sprinkling;,  car 
was  tried,  but  given  up,  as  it  interfered  with  the  regularity  of 
the  train  movements..  Some  difficulty  was- experienced  in  secur- 
ing; thorough  compacting  wherever  the  direction-  of  track  shifting 
was  reversed.  In  such  cases  it  was  necessary  to  place  two  layers 
one  on  top  of  the  other  before  the  track  was  shifted,  and  in  the 
rush  to  take  care  of  the  material  as  fast  as  it  was  sent  out  from 
the  steam  shovels,  great  vigilance  was  required  to  insure  that 
the  proper  amount  of  rolling  was  given  the  under  layer.  About 
30%  of  the  material  was  brought  on  in  wagons.  All  spreading 
and  leveling  of,  the  wagon  dump  was  done  with  4-horse  road 
scrapers,  after  which  it  was  rolled  in  the  usual  manner. 

No  settlement  of  the  4-in.  embankment  was  ever  detected,  and 
from  the  evidence  deduced  from  concrete  structures  built  upon  it 
and  grade  stakes  given,  the  settlement  must  have  been  extremely 
slight,  if  any  at  all. 

.Darns    of    Boulder-Filled    Wire    Baskets.     Engineering    News- 
Rpcord,  Apr.  12,  1917,  gives  the  following: 

Hydraulic  mining  operations  are  now  permitted  in  Western 
states,  only  when  there  is  some  means  of  preventing  the  earth  and 
rocks  washed  down  by  the  jet  from  continuing  on  into  the  lower 
reaches  of  the  stream.  One  way  of  accomplishing  this  is  to  build 
a  dam  across  the  stream  just  below  the  point  where  operations  are 
under  way.  IJy  this  means  there  is  formed  a  pool  that  serves 
the  double  purpose  of  providing  a  settling  basin  and  capacity  for 
storing  the  debris. 

The  margin  of  profit  in  such  mining  work  is  low ;  and  where 
d6bri|S  is  to  be  retained  by  artificig,l  pondage,  only  a  dam  that  can 
be  built  at  very  low  cost^is  feasible.  Two  danis  have  been  built 
in  California  to  meet  this  requirement.  They  consist  of  units, 
or  baskets,  of  poultry  netting  filled  with  coarse  gravel  and  rock. 
These  units  are  I  x  2  x  8  f  t.  in  size  and  are  placed  lengthwise  with 
the  stream.  They  are  built  in  place  and  are  laid  in  the  same  way 
that  shingles  are  placed  on  a  roof,  except  that  they  are  level 
instead  of  sloping.  Each  unit  is  made  to  lap  over  half  of  the 
preceding,  course. 

As  each  course  or  layer  is  completed,  sufficient  backfilling  is  put 
in  behind  on  the  upstream  side  to  give  the  structure  a  top  width 
of   lO  ft.,  in   addition  to  the  courses  of   netted  units.     The  up- 
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stream  side  of  the  fill  is  kept  at  a  slope  of  ly^  to  1,  and  the  down- 
Stream  slope  ranges  from  2  to  1  down  to  4  to  1. 

In  making  the  units,  common  netting  of  14-gage  wire  in  6-ft. 
widths  is  used.  A  10-ft.  length  of  this  wire  is  cut  from  the  roll 
and  put  in  its  place  on  the  dam  in  a  form  composed  of  the  last 
completed  basket  and  a  2-in.  plank  set  on  edge  and  held  in  place 
by  pins.  Into  the  netting  are  then  poured  very  coarse  gravel 
and  rock  up  to  the  size  of  a  man's  hpad.  When  a  sufficient  quan- 
tity has  been  deposited,  the  top  is  leveled  off  with  a  straight- 
edge, and  the  selvage  edges  of  the  netting  are  drawn  together  by 
means  of  a  piece  of  strap  iron  with  a  hooked  end..  The  selvage 
edges  are  then  fastened  together  with  wire,  and  the  ends  are 
folded  in  and  similarly  fastened. 

Construction  Costs.-  On  one  of  the  dams  of  this  type  constructed 
for  the  Omega  mine  on  Scotchman's.  Creek,  California,  the  crew 
consisted  of  six  men.  Two  men  handled  the  netting,  and  four 
men  shoveled  and  wheeled  the  material.  This  crew  laid  20  bas- 
kets per  day,  a  total  of  320  cu.  ft.  They  also  placed  the  back- 
filling for  this  number  of  maskets,  which  brought  up  to  56.3  cu. 
yds.  per  day  the  total  amount  of  material  handled.  At  the 
rate  of  $3  per  day  per  man  the  cost  of  labor  and  material  in  the 
entire  dam  was  48  cts.  per  cu.  yd. 

It  is  to  be  noticed  that  this  work  requires  practically  no  equip- 
ment, calls  for  no  initial  investment  in  plant,  requires  no  skilled 
labor,  arid,  aside  from  inspection  by  state  officials,  only  s«k;h  su- 
pervision as  a  foreman  can  give.  The  only  construction  material 
that  has  to  be  shipped  in  is  the  netting. 

The  material  placed  in  the  baskets  is  the  coarsest  obtainable. 
The  backfill  is  made  of  finer  material;  and  as  the  dam  increases 
in  height  and  the  upstream  face  is  continually  extended,  effort 
is  made  to  use  finer  and  finer  material  so  that  the  seal  will  even- 
tually be  complete  and  the  upstream  face  of  the  dam  as  nearly 
water-tight  as  possible. 

The  fact  that  the  downstream  slope  is  made  of  very  coarse 
material  permits  seepage  to  escape'  promptly,  and  thus  internal 
pressure  cannot  occur.  Another  feature  peculiar  to  this  type  of 
construction  is  that  the  height  of  the  dam  need  not  be  prede- 
termined and  the  structure  can  be  continued  indefinitely  so  far 
as  the  design  and  material  are  concerned. 

Although  the  downstream  face  constitutes  a  cataract  form  of 
spillway  over  which  the  stream  can  quite  safely  be  allowed  to 
flow,  -the  plan  has  been  to  provide  a  separate  spillway  for  the 
dam  when  no  further  increase  in,  height  is  desired. 

The  first  dam  of  this  type  on  the  Pacific  Coast  was  begun  for 
the  Omega  mine  in  1913,  and  has  since  been  raised  by  slow  stages 
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as  the  needs  of  the  mine  required.  It  had  43  layers  and  was 
about  43  ft.  high  in  1917.  This  dam  is  founded  upon  an  old  con- 
crete dam  about  50  ft.  in  height,  the  cost  of  enlarging  which  by 
adding  more  concrete  was  pr'ohibitivei  The  second  dam  of  the 
basket  type  was  being  built  on  Nelson  Creek  in  Plumas  Cpunty 
and  had  attained  a  height  of  about  26  ft. 

Temporary  Hydraulic  Fill  Dam  Across  Colorado  River<  S»- 
gineering  Eecord,  Dec.  25,  1915,  gives  the  following: 

For  not  quite  a  month,  from  Sept.  20  to  Oct.  3,  1915,  the  en- 
tire flow  of  the  Colorado  River  was  diverted  into  the  canal  sys- 
tem of -^the  Imperial  Valley  by  a  hydraulic  fill  dam,  about  6 
miles  below  Yuma.  The  unusual  features  of  the  work  were  the 
deposition  of  the  dam-building  material  in  the  running  water  of 
the  stream,  and  the  fact  that  the  material  was  obtained  locally 
in  a  country  notorious  for  the  friable  and  unstable  character  of 
its  soili — a  soil  commonly  likened  to  sugar  in  its  action  when  in 
contact  with  running  water.  However,  the  dam-building  mate- 
rial was  not  this  light  alluvium,  brought  down  by  the  ruddy  Col- 
orado, but  heavier  deposits  pumped  from  below  the  present  level 
of  the  stream  bed.  .  • 

Water  for  the  irrigation  of  the  valley,  located  in  Southern  Cali- 
fornia and  the  northern  part  of  Lower  California  (Mexican  terri- 
tory) is  taken  from  the  Colorado  River  just  above  the  interna; 
tional  boundary  line.  This  year  the  flow  of  the  stream  fell  below 
the  7,(J00  average  minimum,  endangering  the  supply  to  the  valley. 
The  California  Development  Company,  which  owns  the  main  ca- 
nals in  the  valley  and  sells  water  to  the  mutual  distributing  com- 
panies, in  order  to  save  the  crops  determined  to  throw  a  dam 
across  the  stream  just  below  its  heading,  thus  diverting  the  entire 
flow  into  its  canal,  and'wasting  -such  water  into  the  Salton  Sea 
as  might  be  in  excess  of  its  needs.  For  various  reasons  it  was 
not  possible,  or  at  least  not  advisable,  to  put  a  permanent  struc- 
ture across  the  stream.  The-  river  is  considered  navigable  by 
the  War  Department,  and  the  cost  of  a  permanent  structure  was 
out  of  the  question  because  of  the  financial  condition  of  the  Cali- 
fornia Development  Company.  Furthermore,  immediate  rtlief 
was  needed.  .  It,  therefore,  was  a  problem  of  putting  in  a  tem- 
porary structure,  using  such  materials  as  were  locally  available. 

While  there  is  at  the  heading  a  good  quarry,  furnishing  ample 
rock,  previous  ruling, of  the  War  Department,  requiring  a  rock- 
filled  trestle  across  the  stream  to  be  removed,  barred  such  con- 
struction from  consideration.  Furthermore,  a  dam  of  that  sort 
would  have  been  costly,  for  experience  in  closing  breaks  in  the 
Colorado  has  disclosed  endless  difficulties  in  building  a  pile 
trestle,  the  current  washing  the  soft  alluvium  away  from  the 
piles  with  great  rapidity. 
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Attention,  therefore,  was  directed  to  some  type  of  earth  fill 
structure.  Dry-earth  handling  methods  were  barred,  because 
with  them  only  the  light  alluvium  could  be  economically  secured. 
This  is  an  unsuitable  dam-building  material  because  even  the 
slowest  current  carries  it  away.  Hydraulic-carriage  methods  were 
therefore  resorted  to,  and  were  feasible  only  because  beneath 
'the  present  stream  -bed  a  considerable  amount  of  heavier  materials 
is  to  be  found.  These  consist  of  stones  up  to  6  in.  in  maximum 
size  and,  principally,  of  a  mixture  of  clay,  alluvium  and  gravel, 
which  when  wet  has  considerable  strength,  and  comes  through  a 
10-in.  dredge  discharge  pipe  in  lumps  as  large  as  6  or  8  in.  The 
theory  was  that  these  heavier  materials  discharged  along  the  cen- 
ter line  of  the  dam  would  build  up  a  fairly  good  current-resistive 
core,  the  lighter  materials  being  carried  off  by  the  separating 
action  of  the  water  to  the  upstream  and  downstream  toes.  Much 
of  this  material  would  be  lost,  but  the  larger  particles  and  lumps  ; 
would  not  be'  carried  away  by  low  current  velocities.  For  the 
closure,  which  it  was  recognized  would  be  the  difficult  part  of  the' 
work,  it  was  planned  to  make  use  of  brush  and  sacks  of  earth. 

Procedure.  With  the  plan  formulated,  a  10-in.  suction  dredge, 
with  a  ladder  and  suction  pipe  long  enough  to  reach  to  a  depth 
of  15  ft.  below  the  present' stream  bed,  was  put  to  work  Aug.  12, 
1915.  The  river  at  this  point  is  about  900  ft.  wide,  and  the  dam 
makes  an  angle  of  about  10°  with  a  line  normal  to  the  stream 
flow,  the  trend  of  the  dam  being  downstream  toward  the  right 
bank.  The  dredge  in  fourteen  days  carried  the  dam  to  an  eleva- 
tion of  12  ins.  above  water  level,  extending  from  the  Arizona 
shore  to  within  250  ft.  of  the  California  shore.  As  the  fill  roste; 
light  poles  were  jetted  into  it  and  quantities  of  willow  ajnd  Cot- 
tonwood brush  piled  against  them  to  form  a  fence.  There  were 
two  such  lines,  about  30  ft.  apart,  within  which  space  materials 
were  pumped  to  raise  the  crown  of  the  dam  rapidly..  Three. sub- 
sequent runs  across  the  stream  raised  the  dam  to  an  elevation  of 
5  ft.  above  water  level.  With  the  type  of  construction  described 
there  resulted  a  base  width  of  about  150  ft.  and  a  crown  of  30 
ft.,  the  depth  of  water  being  6  to  7  ft.  When  the  work  was 
started  the  velocity  of  the  current  was  from  2  to  3  ft.  per  second. 
As  the  channel  cross-section  was  decrealsed  the  velocity  naturallyi: 
increased  and  at  closure  was  about  6  ft. 

Since  the  stream  is  subject  to  rapid  rises  and  it  was  undesir- 
able to  take  more  than  about  5,000  sec.  ft.  through  the  Imperial, 
Valley  canals,  arrangements  were  made  during  the  construction,  of 
the  dam  to  cut  it  at  two  places.  The  ends  of  the  dam,  on  each 
side  of  the. point  pf  final  closures,  were  built  as  abutments,  with 
brush  and  stick  fences  strengthened  with  sacks  of  earth,  the 
lines  being  winged  back  along  the  toes.     The  same  type  of  con- 
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structioJi  was  used  at  another  point  in  the  dam,  thus  making  it 
possible  by  using  light  blasts  to  create  quickly  two  150-ft.  chan- 
nels. 

Making,  the  Closure.  Before  beginning  the  final  closure  the 
bottom  sWas  carefully  lined  with  about  10,000  sacks  filled  with 
heavy  material  pumped  by  the  dredge.  The  closure,  which  was 
made  in  a  velocity  of  about,  6  ft,  per  second,  and  at  the  very  last 
instant  in  a  depth  of  water  of  about  22  ft.,  was  effected  with  the 
aid  of  Cottonwood  and  willow  brush  obtained  on  the  river  banks. 
The  brush  consisted  of  young  trees,  6  to  10  in.  in  diameter  at 
the  butt,  and  20  to  30  ft.  long.  iThese  were  piled  on  a  barge 
moored  upstream  at  the  point  of  closure.  Another  barge  was 
loaded  with  earth-filled  sacks,  while  the  dredge  was  in  operation 
with  its  discharge  line  at  the  closure  point.  Two  1^-in.  steel 
cables  were  stretched  from  the  California  shore  to  the  end  of  the 
dam  beyond  the  closure  point.  The  procedure  was  to  throw  the 
brush  into  the  stream,  butts  pointing  downstream,  and  so  to-guide 
them  that  the  butts  would  come  to  rest  against  the  cables. 
Bundles  of  brush  weighted  with  sacks  were  thrown  from  the  barge 
and,  with  the  current,  immediately  brought  pressure  to  bear  on 
the  brush,  quickly  bending  the  poles  until  at  the  steel  cables  they 
were  pointed  vertically  upward.  The  strain  on  them  was  relieved 
by  turning  the  discharge  of  the  hydraulic  dredge  onto  them.  In 
this  way  progress  was  slowly  made  across  the  channel.  Closure 
was  effected  on  Sept.  20,  when  there  was  a  head  of  about  6  ft.  of 
water  against  the  dam. 

The  structure  remained  intact  from  its  completion  until  Oct.  3, 
when  a  rise  of  the  streamj  telegraphed  ahead  from  Needles,  300 
miles  up  the  river,  made  it  advisable  to  blow  up  the  closure 
section.  This  was  done  by  a  charge  of  dynamite.  During  the 
time  of  complete  closure  the  discharge  went  as  low  as  2,700  sec. 
ft.,  and  on  most  of  the  days  was  about  3,500  sec.  ft.,  all  of  which 
was  needed  in  the  valley.  This  was  an  exceptionally  low  stage  of 
this  river,  particularly  for  a  protracted  period,  though  a  minimum 
of  3,000  see.  ft.  had  previously  been  recorded. 

Ywrdage  and  Costs.  Yardage  measurements  of  the  prism  indi- 
cate that  there  were  30,000  eu.  yds.  of  material  in  the  dam, 
though  the  pumping  records,  combined  with  observation  of  the 
percentage  of  material  carried,  indicated  that  40,000  cu.  yds. 
were  pumped.  The  two  figures  are  not  inconsistent,  because  it  is 
known  that  much  of  the  fine  material  was  washed  to  the  toes  and 
these  lost.    The  costs  for  the  pumping  alone  were  as  follows^. 

Labor    $578.38 

Fuel  oil    (13,000   gal.) 416.00 

Other   oil,    and   supplies 100.00 

Total    $1,094.38 
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On  the  basis  of  40,000  cu.  yds,  pumped  this  would  give  a  cost  of 
2.7  cts.  per  yd.  The  dredge  wSs  immediately  upstream  from 
the  dam  side,  so  that  the  length  of  pumping  line  was  in  no  case 
greater  than  SOD  ft. 

For  the  final  closure  450  cords  of  brush,  at  73  cts.  a  cord; 
21,300  sacks,  at  a  total  cost  of  $1,140,  and  1,000  ft.  of  second- 
hand %-in.  and  l^^-in.  cable,  at  a  cost  of  $100,  were  used.  No 
timber  or  piling  was  bought,  poles  and  brush  being  secured  on  the 
banks. 

The  total  cost  of  the  work  was  as  follows: 

Earthwork    (dredge) $1,100 

Brush  and  poles    333 

~  Sacks     1,140 

Wire 32 

Cable  and  clamps    100 

All  labor ..,. 2,000 

Total    $4,705 

Add  10%   for   supervision    470 

Grand    total $5,175 

As  against  this  cost  should  be  set  the  increased  revenue  of 
from  $700  to  $1,200  per  day  irom  the  sale  of  the  water. 

Since  low  flows  are  to  be  expected  and  are  likely  annually  to 
embarrass  the  irrigation  district,  the  California  Development 
Company  plans  to  lengthen  the  ladder  on  its  dredge  in  order  to 
get  deeper  than  at  present.  By  so  doing  still  heavier  material 
will  be  secured  and  will  enable  a  structure  stable  under  even 
higher  velocities  than  were  experienced  this  summer  to  be  built. 

It  is  expected  that  the  present  structure  will  in  part  be  carried 
out  by  high  water,  but  that  a  considerable  base  will  be  left  as  a 
foundation  for  a  similar  structure  next  year,  should  that  prove 
necessary.  The  dredge,  of  course,  has  excavated  a  deep  and  ex- 
tensive hole  which,  it  is  expected,  will  be  filled  with  heavy  mate- 
rial brought  down  in  the  freshets  of  the  next  high-water  season. 

Cost  of  an  Earth  Embankment  and  Gravel  Pacing.  The  fol- 
lowing data,  taken  from  Engineering  and  Contracting,  Aug.il'2, 
1908,  relate  to  the  construction  of  the  Whalen  earth  dike  by  the; 
U.  S.  Reclamation  Service.  This  dike  is  located  at  the  right 
extremity  of  the  Whalen  concrete  diversion  weir  and  extends  to 
the  bluff  of  the  valley.  This  dike,  together  with  the  concrete 
diversion  weir  abutting  onto  it,  furnishes  a  means  of  diverting 
the  flow  of  the  North  Platte  river,  into  the  Interstate  Canal,  andr 
will  serve  that  purpose  for  the  Fort  Laramie  Canal  when  it  is 
constructed.  The  dike  is  about  1,600  ft.  in  length,  11  ft.  wide  on 
top,  with  an  average  height  of  10  ft.  and  side  slopes  of  21/2  to  1. 

The  embankment  contains  about  35,000  cu.  yds.  of  earth.  The 
earth  for  its  construction  was  taken  from  a  borrowpit,  the  nearer 
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edge  of  the  bori-owpit  beiiig  not  less  than  100  ft.  and  the  outside 
edge- at  about  500  ft,-  The  whole  embankment  is  faced  with  a 
covCTiUg  of  gravel,  the  thickness  on  the  top  and  downstream  slope 
being  1  ft.  and  that  on  the  upstream  slope  2  ft.  Practically  the 
entire  embankment  was  covered  with  gravel,  involving  the  placing 
of  about  6,040  cu.  yds.  of  gravel.  The  distance  from  the  gravel 
pit  to  the  south  end  of  the  dike  was  1,700  ft.  on  a  down  grade  of 
approximately  1%  from  the  pit  and  the  total  average  haul  was 
about  2,620  ft.  The  free  haul  under  the  specification  requirements 
was  500  ft. 

The  earth  body  of  the, embankment  was  placed  in  layers  varying 
from  6  to  12  ins.  in  thickness,  and  these  layers  spread  by  hand 
and  thoroughly  compacted  by  the  passage  of  the  scrapers  and 
teams  over  them.  The  material  as  excavated  shrank  about  20% 
through  the  compacting  to  which  it  was  subjected  in  being  placed 
in  the  embankment. 

The  gravel  facing  was  loaded  with  wheel  scrapers  through  a 
trap  into  four-horse  wagons  with  slat  bottoms,  each  holding  about 
2l^  cu.  yds.  The  gravel  was  dumped  from  the  wagons  onto  the 
embahkmeiit,  and  spread  on  the  slopes  by  means  of  a  Fresno 
scraper  and  a  hand  shovel.  Foremen  were  paid  from  35  ots.  to 
40  cts.  an  hour;  laborers  from  22%  cts.  to  25  ctg.  an  hour.  The 
labor  of  horses  in  the  earth  work  has  been  rated  at  10  cts.  an 
hour,  and  in  the  gravel  work  two-horse  teams  with  drivers  at  from 
40  cts.  to  45  cts.  an  hour;  three-horse  teams  with  drivers,  at  from 
50  cts.  to  55  cts.  an  hour,  and  four-horse  teams  with  drivers  at 
from  60  cts.  to  65  cts.  an  hour. 

The  cost  of  the  35,000  cu.  yds.  earth  body  was  as  follows,  per 
cu.  yd. : 

Labor    $0,219 

Plant   depreciation Oil 

Superintendence     -. 004 

Total $0,234 

The  cost  of  the  6^040  cu.  yds.  of  gravel  facing  was  as  follows, 
per  cu.  yd.: 

Labor    $0,874 

Plant   depreciation    022 

Superintendence 020 

Total    $0,916 

The  grand  total  cost  for  these  two  items  was  as  follows: 

Labor $12,976 

Plant  depreciation   535 

Siiperintendence .,,,         270 

Total    .i $13,781 


'^X^ 


DESIGN  AND  CONSTRUCTION  OF  EARTH  DAMS       1215 

The  cost  data  above  given  include  30,000  cu.  yds.  of  overhaul 
amounting  to  $450,  vi^hich  is  not  separately  considered. 

Placing  Puddle  in  a  Cofferdam  by  Pumping,  William  Martin 
gives  the  following  in  Engineering  aml^  Oontraciing,  Ja.n.  6,  1909: 
.  In  building  Davis  Island  Dam,  several  years  ago,  a  cofferdam 
1,085  ft.  long,  containing  5,784  cu.  yds.  of  puddle  material,  -was 
built  by  pumping  the  puddle  from  an  island.  The  cofferdam 
consisted  df  two  rows  of  piles,  the  rows  being  1514  ft.  c.  to  c. 
and  the  piles  in  each  row  being  21'  ft.  c.  to  c.  The 
piles  were  20  ft.  long,  and  were  driven  8  ft.  Three  rows  of 
wale  pieces  or  stringers  .were  bolted  to  the  piles,  12  ft.  apart.  A 
jingle  line  of  vertical  sheeting  plank,  driven  2  ft.  into  the  gravel 
bottom,  rested  against  the  wales.  The  joints  of  the  sheeting  were 
covered  with  1  x  6-m.  strips  to  prevent  leakage  of  the  puddle.  On 
each  side  of  the  sheeting,  at  the  top,  was  spiked  a  2  x  10-in. 
string  piece,  to  form  a  bearing  upon  which  a  plank  deck  was  laid. 

The  plant,  as.  finally  developed,  was  as  follows :  Tubular  boiler, 
36  ins.  diam.,  x  16  ft.  long;  engine,  10x10  in.;  piston  pump  — 
steam  cyl.  12x18  in.;  water  cyl.  6%  x  18  in.;  centrifugal  pump, 
3-in.  discharge ;  ,pipes,  etc. 

The  centrifugal  pump  for  pumping  the  puddle  was  located  on 

an  island  900  ft.  from  the  cofferdam.     Beneath  the  pump  was  a 

tank  for  mixing  the  puddle,  8  ft.  diameter  and  4  ft.  deep,  sunk 

to  a  sufficient  depth  to  secure  a  fall  of  water  from  a  flume  that 

"  tapped  the  river.. 

The,  piston  puihp  was  connected  to  the  delivery  pipe  by  a  wye 
connection,  arid  was  used  for  priming  the  centrifugal  pump,  and 
keeping  the  sand  from  packing,  and  for  furnishing  water  for  the 
steam  boiler  and  for  the  agitator  hose,  as  hereafter  described. 

The  puddle,  consisting  of  loam  and  sand,  was  obtained  within  a 
radius  of  1 00  ft.  from  the  pump  by  loosening  with  a  plow  and 
delivering  close  to  the  tank  with  drag  scrapers.  It  was  then 
shoveled  by  hand  into  the  tank,  a  cost  that  could  have  been 
avoided  had  the  scrapers  dumped  through  a  trap  into  the  tank. 
The  material  was  mixed  with  water  in  the  tank  and  kept  agi- 
tated by  water  from  a  hose  in  the  hands  of  workmen,  to  prevent 
the  earth  from  settling  to  the  bottom.  This  puddle  was  taken  by 
the  feed  pipe  of  the  centrifugal  pump  and  forced  through  the  de- 
livery pipe  to  the  cofferdam,  a  distance  constantly  increasing  as 
the  work  progressed.  The  delivery  pipe  was  laid  on  the  bottom 
of  the  river,  and  then  rose  by  an  easy  ascent  to  about  1  ft.  above 
the  top  of  the  cofferdam. 

The  puddle  occasionally  became  so  thick  as  to  clog  the  delivery 
pipe.  In  order  to  meet  this  difficulty,  the  following  ingenious  plan 
was  devised.'  On  the  delivery  pipe  at  the  centrifugal  pump,  was 
placed  a  pressure  gage.     Any  clogging  of  the  delivery  pipe  im- 
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mediately  caused  the  pressure  to^rise,  whereupon  the  enginemau 
slackened  the  speed  of  the  centrifugal  and  opened  the  valve  in  the 
wye  connection  to  the  piston  pump.  This  admitted  a  stream  of 
clear  water  at  high  pressure  from  the  piston  pump  and  imme- 
diately cleared  the  congestion  of  puddle  in  the  delivery  pipe.  The 
check  valve  in  the  delivery  pipe  between  the  wye  connection  and 
the  centrifugal  pump  prevented  a  back  flow  into  the  centrifugal 
pump; 

One  of  the  principal  difficulties  in  working  the  centrifugal  pump 
was  the  rapid  wear  of  all^  its  parts  that  came  in  contact  with  the 
sand.  The  casing,  which  was  originally  %  in.  thick,  wore  through 
in  10  days,  during  which  time  not  2,500  cu.  yds.  of  puddle  were 
handled.  This  was  replaced  with  a  1-in.  casing  which  was  still 
in  service  after  the  13  days'  use  which  completed  the  job. 

The  stuffing  box  wore  rapidly  until  the  following  ingenious  de- 
vice was  applied :  A  screw  was  cut  in  the  chamber  in  the  opposite 
direction  to  the  motion  of  the  shaft.  A  pipe  was  put  in  back  of 
the  packing  and  connected  with  the  piston  pump.  Water  was 
forced  through  this  around  the  shaft,  and,  being  under  a  greater 
pressure  than  the  centrifugal  pump,  prevented  the  puddle  material 
from  getting  into  the  stuffing  box.  Water  thus  applied  performed 
a  double  duty,  for  it  acted  as  a  lubrication  and  prevented  the  shaft 
from  heating. 

At  the  discharge  end  of  the  delivery  pipe  the  puddle  material 
was  deposited  in  the  cofferdam  and  flowed  off  for  a  distance  of  a 
few  hundred  feet,  depositing  in  a  hard  and  solid  mass.  The  loam 
being  lighter,  remained  longer  in  suspension  and  settled  out  on 
top  of  the  sand. 

In  23  days  there  were  delivered  5,784  cu.  yds.  of  puddle  mate- 
rial, or  251  cu.  yds.  per  10-hr.  day.  Laborers  received  $1.75  to  $2 
a  day,  and  mechanics  $2.50  to  $2.75.  The  cost  was  as  follows 
per  cu.  yd. : 

Pump   ($145) 3.0 

Repairs,   fittings,   etc.   ($382)    6.0 

Pipe    ($364    6.0 

"    Total   plant    15.0 

Labor 49.0 

Fuel .^ 1.0 

Total,  cts.  per  cu.  yd 65.0 

For  comparative  purposes  it  is  well  to  add  the  following  costs 
of  filling  another  section  of  another  cofferdam  near  by  by  another 
method.  The  other  section  was  1,165  ft.  long,  and  it  cost  $5.69 
per  lin.  ft.  for  puddle  in  place,  or  practically  $1.10  per  cu.  yd. 
of  puddle.  The  method  employed  consisted  in  loading  the  mate- 
rial by  hand  into  cars,  hauling  it  over  a  narrow  gage  track  to 
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the  river,  loading  into  boats  and  transporting  to  the  cofferdam, 
shoveling  by  hand  into  place,  and  compacting  with  water.  Wages 
were  Only  $1.25  a  day  for  laborers,  and  $2.25  for  mechanics. 

Embankment  for  the  Yale  Bowl.  Engineering  and  Contracting, 
July  19,  1916,  gives  the  following: 

The  construction  of  the  great  amphitheater  for  athletic  games 
at  Yale  University  involved  300,000  cu.  yds.  of  excavation  and 
175,000  cu.  yds.  of  embankment.  The  bowl,  therefore,  differs 
from  most  modern  amphitheaters  in  being  essentially  an  earthwork 
structure.  It  is  built  iii  a  level  plain  by  excavating  the  center 
of  the  field  and  using  the  excavated  material  to  make  an  em- 
bankment around  the  outside,  this  embankment  forming  a  comr 
plete  oval  about  the  playing  field.  The  seat  slabs  are  placed  di- 
rectly upon  the  earth,  making  it  a  structure  which  cannot  fall 
down.  The  surface  of  the  playing  field  is  about  27  ft.  below  the 
original  surface  of  the  ground,  while  the  top  of  the  embankment 
is  about  27  ft.  above  the  original  surface  of  the  ground,  the  prom- 
enade around  the  top  being  54  ft.  above  the  playing  field. 

A  wall  4  ft.  high  surrounds  the  field.  Access  to  the  bowl  for 
spectators  is  provided  by  30  tunnels,  each  7  ft.  wide  by  8  ft.  high. 
These  extend  from  the  ground  level  outside  to  about  midway  of 
the  seat  bank,  and  aisles  lead  up  and  down  the  slope  from  the 
inner  ends  of  the  tunnels.  Access  to  the  playing  field  from  the 
outside  is  given  by  two  tunnels,  one  15  ft.  wide  by  10  ft.  high  and 
suited  for  entrance  of  vehicles,  steam  roller,  etc.,  and  the  oth!br  10 
ft.  wide  by  8  i\.  high,  and  suited  only  for  pedestrians,  as  it  con- 
tains stairs,  being  the  only  tunnel  so  constructed.  Access  may 
also  be  had  to  the  playing  field  by  a  flight  of  steps  at  the  foot 
of  each  aisle.  The  outside  dimensions  of  the  main  structure  are 
933  ft.  by  744  and. the  structure  with  its  approaches  covers  an 
area  of  25  acres. 

The  loam  which  covered  the  site  was  first  taken  off  and  placed 
in  separate  piles  of  black  -loam  and  yellow  loam.  The  depth  of 
the  black  loam  averaged  about  10  in.  and  of  the  yellow  loam 
about  12  in..  Both  were  of  a  sandy  quality,  particularly  the 
yellow  loam,  some  of  the  latter  being  but  little  better  than  the 
sandy  gravel  beneath  it.  , 

Dragline  Excavator.  The  gravel  was  placed  in  the  embank- 
ment at  first  partly  by  drag  and  wheel  scrapers,  but  the  main 
dependence  for  the  excavation  was  placed  upon  two  large  dragline 
excavators  operated  from  85-ft.  towers  which' moved  on  felliptical 
tracks  built  closely  around  the  outside  of  the  bowl.  These  tow- 
ers operated  buckets  weighing  about  4,500  lbs.  and  having  a  ca- 
pacity of  about  2  cu.  yds.  The  buckets  were  hauled  in  toward: 
the  tower  by  a  single  cable  attached  to  a  drum  of  the  engine  and 
run  out  by  gravity  on  the  main  cable,  which  was  pulled  up  tajUt 
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by  block  and  fall,  attached  to  the  head  of  the  tower,  and  held 
taut  until  the  bucket  had  run  out  as  far  as  desired  and  then 
slackened.:  The  other  end  of  the  main  cable  was.  attached  to  a 
post  which  was  moved  from  time  to  time  so  that  th^  bucket  might 
dig  from  the  exact  spot  desired,  Theoretically,  a  post;  could  have 
T)een  located  at  the  center  of  any  section  of  the  track  which  was 
approximately  a  circular  arc,  and  al)  of  the  material  within  the 
sector  could  have  been  removed. by  the  bucket,  but  several  practi- 
cal considerations  prevented  this  from  being  carried  out  in  the 
main  part  of  the  excavation,  although  toward  the  end,  when  the 
banks  were,  trimmed  by  dragging  special  buckdtg  up  the  interior 
slope,  this  came  very  near  to  being  the  actual  layout. 

The  maximum  output  of  one  of  the  excavators  was  about  1,550 
cu.  yds.  running  22  hours,  while  the  largest  month's  work  for  the 
two  was  about  45,000  cu.  yds.  Considerable  experimenting  was 
necessary  before  the  exact  design  of  bucket  vpias  found  which 
would  load  itself  in  the  bottom  of  the  hole,  and  would  travel  up 
the  slope  without  digging  into  the  bank  which  had  already  been 
built.  iThe  proper  shape  was  finally  found,  and  the  buckets 
worked  very  well  with  only  an  occasional  accidental  digging  be- 
low grade,  which  usually  took  place  during  the  night,  when  the 
light  and  supervision  were  not  particularly  good.  Quite  a  little 
difficulty  was  experienced  in  digging  through  the  10  ft.  of  sandy 
gravel,  which  was  fairly  compact,  although  the  buckets  were  heavy 
and  equipped  with  strong  teeth.  After  this  was  past,  however, 
the  digging  was  very  good  and  the  machines  worked  easily.  Most 
of  the  excavation  outside  of  the  bowl  as  well  as  a  portion  of  that 
inside  was  made  by  two  Thew  rotary  steam  shovels  with  %-cu.  yd. 
buckets  loading  dump  wagons. 

Embanhmenti  The  specifications  called  for  the ,  embankment 
above  the  tops  of  the  tunnels  to  be  rolled  in  6-in.  layers,  and  the 
method  of  operation  was  for  the  drag  buckets  to  make  three  piles 
of  material  between  each  pair  of  tunnels,  the  piles  being  tent- 
ahaped  and  usually  about  3  ft.  high,  8  ft.  wide  and  as  long  as 
the  bank  width.  These  piles  were  figured  to  contain  just  enough 
material  to  make  the  6-in.  layer,  being  the  most  practical  way 
in  which  to  regulate  this  depth. 

As  the  towers  moved  along,  they  were  followed  up  by  teams 
with  leveling  boards,  which  leveled  off  the  piles  to  a  fairly  uni- 
form surface,  and  this  was  thoroughly  wet  down  by  water  from 
lines  of  hose  and  holled  eight  times,  each  point  being  gone  over 
four  times  by  a  grooved  roller  and  four  times  by  a  smooth  roller 
alternately.  The  rollers  weighed  about  800  lb.  per  lilieal  foot  and 
~as  a  rule  required  four  horses,  althougji  occasionally  a  very 
heavy  team  would  be  found  which  could  operate  one  for  a  few 
days  without  assistance.     One  larger  roller,  which  required  six 
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horses,  was  used  for  a;  time.  Large  quantities  of  water  were 
used.  The  contract  called  for  150  gal.  per  minute,  to  be  run  on 
to  the  bank  night  and  day. 

Below  the  tops  of  the  tunnels,  where  rolling  was  not  practica- 
ble, the  material  was  watered  very  heavily,  and  after  the  fill  had 
got  above  the  tops  of  the  tunnels,  special  efforts  were  made  to 
make  sure  that  the  water  hed  penetrated  to  every  portion  of  the 
embankment  by  damming  off  a  section  at  a  time  and  running 
all  of  the  water  into  this  section,  and  punching  holes  in  the  bank 
about  8  ft.  on  centers  by  means  of  drills  of  water  jets.  In  this 
way  the  whole  embankment  received  a  uniform  treatment,  which 
could  not  have  been  assured  otherwise,  for  the  sand  was  so-porous 
that  the  water  from  a  2-in.  hOse  would  disappear  into  the  bank 
within  5  or  6  ft.  from  the  end  of  the  hose,  and  with  operation 
by  the  ordinary  water  boy,  it  was  impossible  to  tell  whether  every 
portion  of  the  embankment  had  been  thoroughly  soaked  or  not. 

When  the  embankment  had  been  carried  nearly  to  its  full 
height,  the  excess  material  on  the  interior  slope  was  dragged 
up  to  the  top  of  the  bank  by  heavy  timber  frames  operated  by 
the  drag  sdraper  towers  in  the  same  manner  as  a  bucket,  these 
frames  being  about  10  ft.  square  and  heaving  heavy  iron  plates 
projecting  below  the  front  edge,  acting  much  like  a  leveling  board. 
They  could  be  made  to  trim  just  where  it  was  desired  by  tighten- 
ing up  the  main  cable  so  that  -they  could  not  go  below  grade  at  any 
point,  and  they  did  very  good  work  in  shaping  up  the  banls. 
The  final  trimming  was  by  hand.  • 

The  outer  slope  of  the  embankment  was  trimmed  partly  by  level- 
ing boards  operated  by  power  and  partly  by  hand,  and  was  then 
covered  with  about  10  ins.  of  loam,  into  which  strips  of  turf 
about  8  ft.  on  centers  were  embedded,  running  parallel  to  the  top 
of  the  bank,  with  the  idea  that  they  would  help  to  distribute 
rain  water  and  prevent  it  from  getting  together  in,  sufficient 
volume  to  do  much  damage  before  it  struck  another  line  of  turf 
and  was  spread'  out  again. 

The  outer  slope  of  the  embankment  is  Sloped  approximately  I 
on  2,  except  around  the  portals,  where  it  is  about  1  on  1%. 
These  steep  places  were  turfed  entirely,  but  the  remainder  of  the 
slope  was  seeded  with  a  mixture  of  11%  lb.  of  red  top,  5  lb. 
of  Kentucky  blue  grass  and  20  lb.  of  white  clover.  This  grew 
rapidly  and  seemed  to  be  very  good  mixture^  for  the  purpose,  the 
clover  springing  up  quickly  and  protecting  the  grass  while  it  was 
startling'.  In  t^is  region  clover  generally  dies  out  after  two  or 
three  years,  while  the  red  top  is  the  native  grass  and  will  get  a 
good  start  by  that  time. 

During  the  placing  of  the  loam  and  turf  a  torential  rainstorm 
occurred,   in  which  the  theory  of  the  strips  of  turf  was  thor- 
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oughly  tested  and  found  to  be  correct.  Small  gullies  formed  be-f 
tween  thei  strips  of  turf,  being  at  most  an  inch  deep  at  the  upper 
end  and  3  ins.  deep  at  the  lower  end  and  close  together,  almost 
as  if  a  very  coarse  rake  had  been  dragged  down  the  slope  from 
one  strip  to  another.  In  no  instance  did  the  water  dip  under- 
neath the  turf,  and  the  gullies  at  the  foot  of  the  bank  were  very 
little  larger,  than  those  up  near  the  top.  The  total  amount  of  dirt 
washed  away  was  small,  and  the  only  repair  necessary  was  going 
over  with  a  rake  to  smooth  the  slope  up  once  more. 

Design  of  Hydraulic-Fill  Dams.  The  conditions  of  solidity 
and  imperviousness  required  of  an  earth  dam  can  be  obtained 
with  the  hydraulic  process  as  readily  as  with  the  ordinary  method 
of  placing  earth  by  teams  or  cars  in  layers  and  rolling  and  tamp- 
ing. With  a  breast  of  great  height  the  hydraulic  filled  dam  can 
be  built  easier  and  frequently  cheaper  if  the  proper  methods  are 
used.  Method  and  cost  of  hydraulicking  are  fully  covered  in 
Chapter  XVIII. 

The  theory  upon  which  dydraulic-fill  dams  are  generally  planned 
is  about  as  follows :  That  the  inner  third  of  the  dam  should  be 
composed  of  impervious  material,  or  material  which,  by  drainage 
and  natural  settlement,  should  consolidate  into  a  mass  which  will 
become  impervious  to  water,  and  remiain  in  a  moist,  semi-plastic 
condition  ;ythat  the  outer  half  of  each  of  the  other  thirds  should 
be  coarse,  porous,  open  material,  through  which  water  drainage 
from  the  interior,  will  pass  freely;  while  the  inner  hallves  of  the 
outer  zones  should  be  a  mixture  of  the  coarse  and  fine,  or  a  semi- 
porous  material,  in  condition  to  act  as  a  filter  so  as  to  prevent 
the  escape  of  any  of  the  fine  particles  from  the  inner  third,  but 
at  the  same  time  allow  the  slow  percolation  of  water  through  it. 
.  Such  a  variation  in  sizes  of  materials  is  not  always  obtain- 
able. Then  the  engineer  must  modify  his  design  to  meet  the  con- 
ditions. 

,  Pjredioaments  of  this  sort  have  led  to  the  invention  of  the 
hydraulic-fill,  rock-fill  dam.  In  this  kind  of  dam  the  down-stream 
side  of  the  breast  is  built  of  rock,  and  the  rest  of  it  is  hydraulic- 
fill.  The  core  wall  is  generally  the  dividing  line,  but  not  neces- 
sarily so.  Sheets  piles  are  driven  along  the  up-stream  end  of  tiu 
rock-fill,  to  prevent  the  fine  particles  of  earth  from  escaping  from 
the  center  of  the  dam  and  flowing  away  through  the  rock-fill. 
,  In  depositing  the  sluiced  material  in  the  dam,  care  is  taken 
that  the  earth  is  deposited  on  the  slopes  of  the  breast,  thus  keep- 
ing them  higher  than  the  center,  which  allows  the  water  to  collect 
in  a  pond  at  that  point.  ,^  This  serves  several  purposes.  The 
weight  of  water  compacts  the  material  as  well  as  perniitting  the 
suspended  particles  to  settle  to  the  bottom,  thus  preventing  the 
wasting  of  any  of  the  earth  excavated.     Then,  too,  the  coarse 
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material  is  deported  on  the  slopes,  y^hile  the  filler  granujes,  are 
carried  into  the  center,  thus  making  up  the  plastic  core  that  is 
so  essential.  In  rock-filled  dams  it  is  evident  that  it  is  necesr 
sary  to  place  a  flume  or  pipq*  on  the  up-stream  slope  only,  as  the, 
lower  slope  is  taken  care  of  by  the  rock. 

The  excess  of  water  is  carried,  from; the,  pond  in  the  center  by 
flumes,  or  by  syphons,  or  by  connecting  the  waste  culvert  in  the 
bottom  of  the  breast  by  a.  small  shaft,  which  is  built  up  in  suc- 
cessive layers,  through  the  dam,  keeping  it  at  such  a  height  as  to 
retain  four  or  five  feet  of  water  in  the  pond.  As  this  water  is 
run  off,  it  can  be  stored,  if  necessary,  f 91:  use  a  second  time. 
In  designing  these  outlets  for  the  water,  when  they  run  through 
the  dam,  it  must  be  remembered  that  the  wet  material  has  con- 
siderable crushing  pressure,  and  ample  strength  must  be  given 
to  the  culverts,  ,  In  a  number  of  cases  of  dam  construction  these 
outlets  have  failed.  ;        , 

Cost  at  Hydraulicking  the  Lake  Francis  Dam.  This, involved, 
rebuilding  and  enlarging  an  old  dam  made  with  teams,  part  of 
the  breast  of  the  dam  having  been  washed  away.  This  work 
is  described  by  James  D.  Schuyler  in  Transactions,  Ameriqan  So- 
ciety of  Civil  Engineers,  Vol.  .LVIII. 

Throughout  the  reconstruction  work  the  minimum  cost  for 
labor  on  any  one  .week's  work  averaged  3.8  eta.  per  cu.  yd., 
sluiced  and  deposited  in  the  dam.  The  average  labor  cost  was 
about  15  cts.  per  cu.  yd.,  and  the  total  cost  was  less  than  20  cts. 
per  cu.  yd.,  including  all  power,  materials  and  plant.  In  all 
18,300  cu.  yds.  were  deposited  in  the  dam-  The  record  of  power 
used  in  pumping  showed  that  it  cost  1  ct.  per  cu.  yd.  for  power. 
Electricity  was  used.  From  the  channel  below  the  spillway  9,150 
cu.  yds.  were  excavated  with  the  monitor  at  a  cost  of  3%  cts. 
per  cu.  yd.  , 

Hydraulicking  the  ConcuUy  Dam,  Washington.  An  abstract 
of  a  paper  by  D.  C.  Henry,  Trans.  Am.  Soc.  C.  E.,  vol.  LXXIV,, 
is  given  in  Engineering  and  Contracting,  May  10,   1911,  as  fgl- 

lows : 

The  ConcuUy  Dam  is  part  of  the  Okanogan  project. of  the  U. 
S.  Reclamation  Service.  ,  The  principal  dimensions  of  the  dam  are; 

Greatest  height  above  bottom  creek  channel,  ft 66 

Width  o£  valley  on  center  line  of  dam,  ft 815 

Length  of  crest  of  dam,  ft 1,010 

Top   width,    ft •■•••■ 20 

Length  of  spillway,  ft •;;■••■; ' — /.'■  „  , 

Up-stream  slope:  upper  portion  2%:  1.  lower  portion  d:l    , 

Down-stream  slope   ; 2:1 

Volume  of  dam,   cu.  yds.... ii51,500 

Materials  Available.  The  following  materials  were  a-vailable 
for  dam  construction :.     ( 1 )    Fine  sandy  loam  near  thp  surface,  in 
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the  valley  bottom,  principally  to  be  fo^nd  up  stream  from  the 
dam;  (2)  gravel  and  sand  from  the  gravel  bar  to  the  east  of 
the  reservoir,  at  a  distance  of  from  2,000  to  5,000  ft.;  (3)  talus 
material  on  the  west  mountain  side,  'just  below  the  dam,  consist- 
ing of  sand  and  silt  from  the  disintegration  of  the  granite  rock, 
mixed  with  angular  rock  fragments  of  sizes  from  a  man's  fist 
to  a  cubic  yard. 

The  latter  material  was  selected  as  that  most  suitable  for  the 
dam,  in  connection  with  the  method  of  construction  to  be  fol- 
lowed. 

It  was  considered  desirable  to  place  the  core  section  as  near 
forward  in  the  dam  as  practicable  so  as  to  have  it  backed  by  the 
maximum  quantity  of  more  open  material.  As  a  result,  the  cen- 
tral plane  through  the  core  has  a  dowh.stream  inclination.  It 
was  expected  that  no  difficulty  would  result  from  this  position 
of  the  core,  as  it  would  be  possible  to  keep  the  down-stream 
dumps  at  a  higher  elevation  than  those  up  stream  and  thus 
maintain  the  central  pond  at  a  point  well  forward  toward  the 
reservoir  side.  , 

The  core  section  connects  with  the  side-hill  by  cleaning  to 
bedrock  and  excavating  a  rock  trench  in  line  with  the  inclined 
central  core  plain.  A  drainage  trench  was  provided  at  the  down- 
stream toe  of  the  dam,  filled  with  coarse  material,  hydraulicked 
in,  connecting  with  the  old  creek  channel  below  the  dam. 

Ooristruction.  Construction  was  commenced '  in  the  summer  of 
1907,  during  which  year  the  following  work  was  dohe:  (1) 
Building  3  miles  of  feed-water  flume,  mostly  on  steep  ihountain 
sides;  (2)  building  a  dirt  flume,  partly' on  mountain  side,  partly 
on  trestle;  (3)  driving  and  jetting  855  ft.  of  6  by  12-in.  triple 
lap,  tongued  and  grooved,  sheet-piling,  36  ft.  long,  for  a  distance 
of  33  ft.  into  valley  bottom;  (4)  excavating  395  it.  of  8  by  9-ft. 
outlet  tunnel,  partly  lined,  through  the  east  mountain  side,  and 
excavating  a  vertical  shaft;  (5)  partial  excavation  of  the  spill- 
way gap  in  the  ridge  at  the  west  end  of  the  dam. 

During  the  season  of  1908,  97,000  cu.  yds.  of  material  were 
sluiced  from  the  borrowpits,  and  the  spillway  excavation  was 
completed  and  lined  with  concrete.  At  the  end  of  the  season] 
second-stage  flume  trestles  were  erected.  During  the  season  of 
1909,  188,000  cu.  yds.  of  material  were  sluiced  from  the  borrow- 
pits, and  the  permanent  gates  were  installed  in  the  outlet  tunnel. 
During  the  season  of  1910,  the  remaining  64,000  cu.  yds.  of  ma- 
terial were  sluiced,  mostly  from  the  second-stage,  and  partly 
from  the  third-stage  flumes.  The  dam  was  completed  during  Au- 
gust, 1910. 

The  original  supply  flume  had  a  capacity  of  17  sec-fti  At  the 
end  of  the  1908  season  it  was  decided  to  increase  this  capacity 


DESIGN  AND  CONSTRUCTION  OF  EARTH  DAMS       1223 

to  26  sec-ft,  Small  storage  reservoirs  were  built  above  the  flume 
intakes  to  permit  of  concentration  of  the  flow  during  the  dry 
season  for  two  shifts  or  one  shift  each  day.  The  large  boulders 
found  in  the  pit  had  to  be  broken  by  blasting,  or  wasted,  to  pre- 
vent them  from  accumulating  in  the  bottom.  For  this  reason 
two  pits  were  kept  in  operation  alternately. 

The  feed-water  was  led  down  the  mountain  side  through  14-in. 
No.  16  steel,  slip-joint  pipes,  one  line  of  pipe  for  each  borrow- 
pit,  and  was  used  partly  by  the  giant,  which  consumed  from  1% 
to  5%  seo.-ft.,  through  nozzles  changed  from  2  to  Sy^.  ins.  in 
diameter,  as  required.  The  water  was  supplied  under  a  head  of 
129  to  169  ft.  for,  the  first  stage,  and  from  114  to  140  ft.  for  the 
second  and  third  stages.  A  flow  of  from  2  to  3  sec.-ft.  was  de- 
livered under  pressure  through  a  4-in.  pipe  at  the  head  of  the  bor- 
rowpit  dirt  flume  near  its  bottom,  serving  as  push-water.  The 
remainder  of  the  available  water  was  used  as  push-water  at  the 
,point  where  the  pit  flume  dropped  its  load  into  the  main  dirt 
flume.  A  small  quantity  of  water,  however;  was  allowed  to  enter 
the  pit  at  its  upper  end  on  a  level  with  the  supply, flump,  in  order 
to  cause  the  fine  upper  material  to,  slide  in  from  above. 

A  7xl3-in.  screen  was  used  at  the  head  of  the  pit  flume  during 
the  1908  season,  to  exclude  large  rock,  but  its  use  was  discon- 
tinued after  the  water  supply  was  increased. 

The  main  dirt  flume  ran  along  the  lower  edge  of  the  pits  oppo- 
site the  point  on  the  dam  equidistant  |from  its  ends,  and  then  pro- 
ceeded on  a  high  trestle  from  the  mountain  side  to  the  dam.  On 
reaching  the  dam,  the  main  flume  connected  on  each ,  side  with 
two  lateral  flumes  near  the  down-stream  toe  of  the  dam,  and  con- 
tinued to  similar  flumes  close  to  the  up-stream  toe.  When  the 
dam  was  built  up  to  the  elevation  of  the  first  lateral  flumes 
the  main  trestle  was  raised  29  it.,  and .  was  connected  with  a 
new  flume  laid  along  the  mountain  side,  while  the  new  lateral 
flume  trestles  were  built  closer  to  the  center  line  of  the  dam,-  In 
the  final  finishing  of  the  dam,  a  single  flume  was  built  on  trestle 
near  the  center  line. 

The  main  dirt  flume  was  built  with  wooden  sides  slightly  in- 
clined outward,  and  with  a  curved  bottom  of  No.  10  mild  steel 
with  a  12-in.  radius.  The  width  at  the  top  was  2  ft.  9  ins.  and 
the  total  depth  2  ft.  3  ins.  The  velocity  of  the  water  ranged 
from  14  to  18  ft.  per  sec. 

It  soon  became  apparent  that  the  angular  rocks  sliding  on  the 
bottom  caused  serious  wear,  and  when  lil,000  cu.  yds.  had,  been 
delivered,  many  holes  had  been  worn  within  a  strip  in  the  center 
6  ins.  wide,  the  steel  higher  up  showing  little  wear.  The  flume 
was  then  given  a  fla;t  wooden  bottom  16  ins.  wide,  and  lined  with 
'No.  10  mild  steel,  which  stood  the  wear  far  better. 
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At  the  end  of  the  first  season,  when  it  was  decided  to  increase 
the  water  supply  from  15  to  26  sec.-ft.,  the  dirt  fiume  was  rebuilt 
to  rectangular  Shape,  with  a  bottom  30  ins.  wide  and  lined  with 
1/4 -in.  high-carbon  steel,  "and  27-in.  sides  lined  foi;  the  lo\\^er  6  ins. 
with  No.  10  mild  steel.  The  heavier  and  harder  steel  answered 
^he  pui-pose  satisfactorily,  and  lasted  through  the  delivery  of 
252,000  cu.  yds.  of  material,  showing  serious  wear  only  at  the 
butt  joints. 

The  flumes  had  4%  grades,  except  the  short  borrowpit  flumes, 
which  had  8%  grades,  arid  the  third-stage  flumes  for  the  finishing 
of  the  dam,  whicli  for  part  of  the  distance  back  had  a  .3%  grade. 

The  material  was  discharged  from  delivery  points  at  the  dam 
ih  two  rows  of  cones,  forming  ridges,  the  principal  ridge  being 
along  the  down-stream  slope.  By  deflecting  screens,  gratings, 
spouts,  and  other  means,  the  coarsest  material  was  discharged, 
as  far  as  possible  outward,  and  the  finer  material  inward,  to- 
ward the  pond  maintained  between  the  two  ridges.  The  surplus 
water  from  the  pond  "was  drawn  off  on  the  reservoir  side  through 
flumes  near  the  ends  of  the  dam,  which  were  alternately  raised 
6  ins.  at  a  time,  the  pond  being  maintained  at  a  depth  of  from 
12  to  18  ins.  ■ 

The  material  settling  in  the  pond  consisted  of  very  fine  sand 
and  silt,  the  coarser  sand  and  gravel  coming  to  rest  on  the  slop- 
ing sides  of  the  pond,  and  the  large  rock  dropping  vertically  and 
sliding  down  the  cone  slopes.  The  pond  at  first  was  quite  wide, 
but,  as  elevation  was  gained,  it  narrowed  up  to  such  an  extent 
that  in  spite  of  skillful  handling,  the  sloping  coarse  sand  layers 
would  at  times  extend  well  into  the  puddle,  section  and  some- 
times clear  across  it.  Such  layers  were  broken  up  by  systematic 
stirring  with  paddles,  but  when  this  tendency  to  stratification  be- 
came more  marked  and  could  not  be  satisfactorily  prevented  or 
counteracted,  it  was  decided  to  introduce  an  artificial  core  with 
puddling  material  from  other  sources.  The  surface  material  in 
the  valley  below  the  dam,  consisting  of  black,  loamy  sand,  was 
well  suited  to  form  a  core.  This  material  was  hauled  in  by 
scrapers'  on  an  up-hill  road,  dumped  on  a  platform  and  washed 
into  the  dam  through  an  8-in.  pipe.  In  order  to  insure  against 
stratification  across  this  core,  two  wooden  diaphragms  were  built 
of  2  by  4-in.  studding  and  1-in.  boards,  which  were  first  given  a 
vertical  position  and  made  io  step  back  in  sections,  so  as  to  have 
their  center  plane  correspond,  as  nearly  as  possible,  with  the  cen- 
ter plane  of  the  general  core,  but  which  were  later  built  in  a  slop- 
ing position.  Thus,  while  the  material  from  the  upper  borrow- 
pits  was  hydraulieked  in  on  the  slopes,  the  core  material  was 
washed  in  through  the  8-in.  pipe  between  diaphragms.  The  ar- 
tificial core  was  started  at  an  elevation  14  ft.  above  the  general 
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base  of  the  dam  in  the  late  spring  of  1909,  and  was  continued 
about  39  ft.  up  to  the  high-water  line.  It  cohlains  in  the  aggre- 
gate 11,600  cu.  yds.  and,  owing  to  the  long  haul  of  about  1,000 
ft.  on  a  7%  up-^rade,  and  also  to  the  necessity  of  using  a  large 
quantity  of  lumber  for  diaphragms,  its  cost  was  quite  high. 

The  coarse  rock,  as.  dumped  on  the  outer  slopes,  was  of  suffi- 
cient size  to  serve  as  rip-rap,  but  it  did  not  prove  possible  to  de- 
posit it  to  final  slopes  by  the  use  of  water  alohe,„  and  after 
hydraulieking  was  completed,  it  required  a  large  amount  of  hand- 
work to  obtain  reasonably  good  slopes. 

As  the  quantity  of  rock  fov.nd  in  the  borrowpits  was  larger 
than  had  been  estimated,  the  relative  quantity  of  rock  on  the 
water  slope  became  sufficient  to  justify  the  steepening  of  this 
slope  from  3  to  1,  as  had  been  originally  designed,  to  2% 'to  1 
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rig.  23.     Cross  Section  Conciilly  Dam. 

for  the  upper  26  ft.  of  the  dam,  as  shown  by  the  dotted  lines 
in  the  central  section  on  Eig.  23. 

The  dam  was  built  with  a  super-elevation  of  1  ft.  across  the 
valley,  equivalent  to  nearly  2%  of  its  height,  In  view  of  the  hard 
pounding  and  washing  which  the  material  received,  in.  being 
dumped,  and  the  prevalence  of  sand  and  gravel,  this  provision  may 
seem  excessive.  During  the  progress  of  construetidn.,^'  however, 
,  it  was  found  that  as. the  load  came  on  the  base,  considerable  settle- 
ment occurred  in  the  trestles,  due  apparently  to  a  compacting 
of  the  fine  loamy  sand  in  the  foundation.  The  maximum  settle- 
ment, extending  over  the  last  560  days  of  construction  being  3.9 
ft.  along  the  old  creek  bed.  In  total  volume,  this  settlement 
amounted  to  15,500  cu.  yds.  and  while  it  may  have  ceased  on  the 
completion  of  the  dam,  it  was  deemed  wise  to  finish  to  the  super- 
elevation above  mentioned.  Careful  watoh  was  kept  for  possible 
evidence  of  a  swelling  up  of  the  ground  surface  beyond  the  toes 
of  the  dam,  but  none  was  observed. 

The  swell  in  volume  during  the  first  season  was  estimated  at 
12%,  but,  for  the  completed  work,  a  lower  percentage  is  computed, 
as  follows :  1 
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Sluiced  from'  side-hill  borrow-pits,   cu.  yd& '349,455  ..     i^.j.^I 

Loss  in  waste  water,  cu.  yds ., 20,000      ■,',.^:^. 

Bemaining  in  dam,  pit  measurement,  cu.  yds 329,455 

Volume  of  dam,   cu.  yds 339,900 

y  

Swell,  3.2%    10,445 

The  cost  of  the  reservoir  was  as  follows: 

Clearing  reservoir  site   $7,652 

Hain  Dam; 

Creek   diversion    ..> ....'...'. 965 

Clearing  dam  site 936 

Trenches ; 1,862 

Sheet-piling 13,982 

Hydraulicking,  339,900  cu.  yds.  at  45.8  cts 155,637 

-Puddle  core,  11,600  cu.  yds.  at  $1.97  22,885 

Sloping ;...:.. 8,465 

Miscellaneous    1,382 

Total  for  main  dam $208,219 

Outlet  works    -23,114 

Spillway    34,613 

Telephone     2,327 

Real  estate 3.0,977 

General  investigation  of  dam  sites  19,028 

Total  cost  of  13,000  acre-ft.  at  $24.95  1 $324,325 

The  items  in  the  table  include  all  charges  for  administration, 
engineering  and  general  expenses.  The  cost  of  puddle  core  in- 
cludes lumber  for  dlaphrsigms.  The  total  material  in  th.e  dam  is 
351,500  cu.  yds.,  and  the  combined  cost  of  hydraulicking  and 
puddle  core  is  $178,522,  making  the  average  cost,  on  the  basis  of 
bank  measurement,  50.8  cts.  per  cu.  yd.,  including  lumber  for  core 
and  all  overhead  .charges,  but  exclusive  of  the  cost  of  sloping. 

The  details  of  the  cost  of  hyraulicking  are  shown  in  the  follow- 
ing table,  the  prices  paid  for  labor,  per  8-hr.  day,  being: 

Common   labor $2.25@2.50 

Pitmen     2.75@3.00 

Giant   men 3.00 

Powder   men    3.00 

Carpenters .- 4.00@4.50 

Foremen 5.00 

Plant:  cts.  per  cu.  yd. 

Feed  supply  dams  anid  flumes  , 5.04 

Dirt  flumes  and  trestles,  exclusive  of  flume  lining 5.94 

Steel  Uning   , 4,40 

Pipes,  giants  and  hose 1.09 

Electric  light  plant    0.37 

Proportionate  share  of  camp  buildings   0.33 

Superintendence    1.49 

Administration,  engineering  and  general  expenses 2.29. 

Total   ($71,204) 20.95 

Less  value  of  pla&t  on  hand  . .  i 0.62 

Total   plant    20.33 


'i 
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Supplies : 

Tools 0,63 

Rubber  boots  and  clothing  0.80 

Powder  and  explosives 1.41 

Proportionate  sli'are  of  camp  buildings   0.06 

Superintendence    /. 0.23 

Administration,  engineeringi  and  general  expenses 0.36 

Total  supplies 3.48 

Labor:  ,  » 

Foremen    ^ ^ 1.25' 

Building  road  to  T)it 0.17 

Clearing  borrow-pit, 0.16. 

Feed-supply  flume  tenders   2.14 

Giant  men   0.7O 

■     Pit  Inen 3.89 

Clearing  pit  of  rock 2.46 

Building  lateral  flume  in  pit  0.28 

Hauling  and  laying  pipe  in  pit  .; 0J9 

Dirt  flume  tenders   2.28 

Labor,   steel  lining 1.46         ' 

Spreading  material  and  puddling  in  dam  0.40 

Carpenters  on  dam  and  flumes  1.15 

Blacksmith .....1  0.27 

Operating  light  plant   0.24 

Transporting  laborers   i 0.38 

Dismantling  plant  0.28 

Proportionate  charge  for  camp  buildings   .  0.29 

Superintendence    1.34 

Administration,   engineering  and  general  expenses 2.06 

Total   labor    ; 21.99 

Total    cost   hydraulicking   339,900    cu.    yds.,    cts.    per 
cu.    yd 45.80 

Hydraulicking  the  Bear  Creek  Dam.  This  dam  is  part  of  the 
Jordan  River  development  on  Vancouver  Island.  It  was  com- 
pleted in  May,  1912,  and  forms  a  storage  reservoir  for  an  hydro 
electric  plant.  C.  E;  Blee  describes  the  construction  of  the  dam 
in   Engineering   and   Contracting,   May   21,   1913. 

Some  of  the  dimensions  are: 

Total    volume    of    dam    (embankment    measurement)', 

cu.   yds 148,390 

Length  of  crest  of  dam,  ft 1,017 

Greatest  height  above  original  grQund  surface,  ft 57 

Greatest  height  above  bottom  of  sheet  piling  curtain, 

ft 127 

Top  width  of  dam,  ft 15 

Upstream  ^lope   of   dam 3  to  1 

■  Downstream  slope  of  dam  2^  to  1 

Capacity   of   spillway,    cu.   ft.    per   sec < ;...  5,000 

Distance  of  spillway  entrance  below  crest  of  dam,  ft.  15 

Distance  of  high  water  level  below  crest  of  dam,  ft.  5 

Cut-Off  Trench.  As  soon  as  stripping  had  advanced  far  enough 
to  permit  it,  work  was  started  on  a  cut-off  trench,  extending 
throughout  the  length  of  the  dam  and  parallel  with  the  axis,  the 
center  line  of  the  trench  being  directly  under  the  downstream  edge 
of  the  crest  of  the  daml  This  trench  (Fig.  25)  was  6  ft.  wide  at 
the  bottom,  and  averaged  about  _20  ft,  deep,  with  siie  slopes  of 
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%  to  1.  At  both  ends  of  the  dam  it  was  carried  down  to  bed- 
rock as  far  as  the  practicable  depth  of  the  trench  would  permit, 
the  bedrock  dipping  ^rather  rapidly  toward  the  center  of  the 
valley.  The  material  excavated  consisted  of  a  semi-cemented 
gravel,  and  heavy  boulders  with  thin  layers  of  sand  at  deeper 
levels,  The  first  lift  of  5  or  6  ft.  was  shoveled  directly  into 
wheelbarrows.  The  greater  part  of  the  remainder  was  removed 
by  a  steam  derrick  with  skips,  a  hand  derrick  also  being  used 
in  some  extent.  The  smaller  material  in  ^he  section  under  the 
old  stream  bed,  where  considerable  water  was  encountered,  was 
removed  with  a  hydraulic  elevator. 

All  material  excavated  from  the  trench  was  placed  in  the  em- 
bankment, excepting  near  the  ends  where,  due  to  the  narrowness 
of  the  base  of  the  dam,  but  little  of  this  material  could  be  used; 
and  it,  was  more  economical  to  waste  it  than  to  haul  it  to  the 
wider  portions.  In  placing  material  of  any  description  by  means 
other  tian  sluicing,  care  was  observed  to  keep  it  well  without 
the  limits  of  the  middle  third  of  the  section,  in  order  to  re- 
serve the  central  portion  for  the  puddle  material  deposited  under 
water.  The  material  from  the  trench  excavation  placed  in  the 
embankment  was  largely  used  to  start  the  toe  of  the  slopes 
of  the  dam,  thus  forming  dikes  some  5  ft.  -or  more  in  height, 
which  would  serve  to  retain  the  sluicing  pond  and  to  be  other- 
wise useful  at  the  time  of  starting  the  fill  by  sluicing  methods. . 

The  total  volume  of  material  removed  from  the  trench  was 
8,675  cu.  yds.  The  direct  labor  cost  of  excavation  when  a  steam 
derrick  was  uped  was  approximately  $1.00  per  cu.  yd. 

Borrou'pits.  The  main  borrowpit  was  located  on  the  north 
side  of  the  valley,  ■  directly  opposite  the  dam  and  about  400  ft. 
from  the  north  end  of  the  dam  axis.  Test  pits  showed, this  to  be 
the  only  available  deposit  sufficiently  large  to  furnish  the  material 
for  the  embankment.  The  material  was  a  hard-pan  made  up  of 
sand,  gravel,  and  boulders,  mixed  with  clay,  and  overlying  the 
bedrock  in  depths  of  from  8  to  18  ft.  It  was  not  an  economical 
material  to  handle,  as  it  was  necessary  to  break  it  with  powder; 
it  required  a  heavy  grade  on  the  flumes,  and  a  large  amount 
of  boulders  had  to  be  handled  and  wasted  in  the  pit;  but  it 
was  so  proportioned  that  when  segregated  and  deposited  by 
the  hydraulic  process  it  formed  an  embankment  which,  for  sta- 
bility and  imperviousness,  could  not  be  surpassed. 

Small  borrow-pits  were  opened  on  the  south  side  of  the  valley 
to  be  used  in  finishing  the  south  end  of  the  dam.  The  main  pit 
was  at  an  elevation  of  from  150  to  250  ft.  above  the  valley 
floor,  which  is  equivalent  to  95  and  195  ft.  above  the  crest  of  the 
dam. 

Equipment  for  Slmcing.    A  gravity  supply  of  water  was  ob- 
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tained  from  a  small  tributary  creek  rising  on  the  north  slope 
of  the  valley,  and  entering  Bear  Creek  just  below  the  dam.  A 
crib  dam,  13  ft.  in  height,  was  built  near  the  head  waters  of  this 
.creek,  forming  a  storage  reservoir  with  a  capacity  of  approxi- 
mately 1,500,000  cu.  ft.,  which  was  sufficient  to  operate  the  sluic- 
ing five  to  seven  days,  aided  by  the  natural  flow  of  the  creek. 
This  storage  proved  very  useful,  as  the  stream  fluctuated  rapidly 
with  weather  conditions,  running  very  low  in  dry  periods  or  in 
freezing  weather.  The  water  was  diverted  at  a  point  about  half  a 
mile  from  the  dam  site,  and  carried  by  means  of  a  10-in.,  spiral- 
wound  wood-stave  pipe  to  a  head-box  above  the  borrow  pit.  This 
pipe  had  a  capacity  of  approximately  7  cu.  ft.  per  second.  From 
th^  liead-box  to  the  borrow-pit,  a  distance  of  about  400  ft.,  an  8-in. 
slip-joint  riveted  steel  hydraulic  pipe  —  No.  12  gage  —  was  laid. 
A  gate  was  provided  at  the  head-box  and  two  .  2-in.  standpipes 
installed  as  air  valves.  Care  was  taken  to  anchor  tlijs  pipe,  espe- 
cially at  all  angle  joints.  A  Y-piece  was  installed  just  above  the 
borrow-pit,  with  one  pipe  leading  down  the  west  side,  and  the 
other  down  the  east  side  of  the  pit.  Both  were  provided  with 
gate  valves  near  the  Y.  The  monitors  were  connected  directly  to 
these  pipes,  which  were  shifted  about  as  the,  progress  of  the  work 
required.  The  static  head  at  the  nozzles  ranged  from  125  to  225 
ft.,  giving  discharge  of  from  3  to  6  cu.  ft.  per  sec.  Nozzle  tips 
of  3  and  4-in.  diameter  were  used. 

Pumping  Plant.  A  pumping  plant  was  installed  just  below 
the  dam  near  the  creek,  to  be  used  whenever  the  gravity  supply 
ran  low,  and  so  avoid,  as  far  as  possible,  delays  in  sluicing 
operations.  This  was  considered  necessary  as  it  was  impera- 
tive that  the  dam  be  completed  in  time  to  store  water  for  use 
during  the  summer  of  1912.  The  plant  contained  two  three-stage 
centrifugal  pumps,  6-in.  discharge,  1,000  gals,  per ,  minute  ca- 
pacity, the  pumps  being  driven  by  steam  engines,  equipped  with- 
four  50-hp.  boilers.  Wood  cut  near  the  site  was  used  for  fuel. 
When  running  at  full  capacity,  about  25  cords  were  burnt  per 
24  hrs.  This  was  delivered  at  the  plant  at  an  average  total 
cost  of  $3.50  per  cord. 

The  small  borrowpits  south  of  the  dam  were  operated  entirely 
by  water  from  the  pumps. 

For  lighting  the  works,  16  c.  p.,  incandescent  lamps  were 
strung  on  each  deck'  of  the  main  flutae  and  laterals,  the  power 
being  generated  by  a  D.  C.  100-amp.  125-volt  dynamo,  operated 
in   connection   with   the   pumping   plant. 

Sluicing  Flume.  A  main  flume  (Fig.  24)  of  three  decks  was 
erected  to  carry  the  sluiced  materials  from  the  borrow-pits  into 
the  dam.  This  flume  extended  the  full  length  of  the  dam,  parallel 
to  the  axis,  and  with  its  center-line  8  ft.  upstream  from  the  rip- 


1230 


HANDBOOK  OF  EARTH  EXCAVATION 


stream  edge  of  the  crest.  It  was  so  located  in  order  to  be  clear 
o'J  the  cut-off  trench,  but  ordinarily  it  is,  better  practice  to  keep 
the  flume-  within  the  lines  of  the ,  crest  so  that  as  the  fill  ap- 
proaches the  crest,  any  overflow  from  the  fliume  will  not  tend  to 
wash  out  the  newly  formed  slopes.  , 

A  fluma  box  was  carried  on  each  of  the  three  decks.  The  pav- 
ing blocks  used  in  the  bottom  of  the  hoxes  were  cut  on  the  site, 
and  it  was  found  economical  to  select  the  best  &i  timber  for  these. 
It  was  necessary'  to  replace  these  blocks^  after  the  passage  of  about 
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Fig.  24.     Main  Sluicing  Flume  Bear  Creek  Dam. 

25,000  cu.  yds.  of  borrowpit  material,  and  even  before  this  they 
would  become  so  badly  hollowed  out  and  worn  as  to  interfere 
considerably  with  the  flow  of  the  sluiced  material.  There  was 
but  slight  wear  on  the  sides  of  the  flumes,  the  original  boards 
lasting  throughout  the  work.  A  grade  of  6%  was  used  on, .the 
main  flume,  and  this  proved  to  be  as  light  a  grade  as  .could  be 
used  with  the  dense  heavy  material  which  was  foupd  in  the  bor- 
rowpits  here. 

Lateral  flumes,  branching  off  from  the  main  flume,  and  then 
curving  and  extending  along  near  th|?  face  of  the  slope  and  parallel 
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to  the  axis,  were  erected  to  distribute  the  material  along  the  edges 
of  the  rising  embankment.  Two  types  of  laterals  were  used,  ac- 
cording to  the  construction  of  the  flume-box.  The  longer  and 
more  permanent  laterals  had  a  box  with  flush  or  butt  Joints  and 
of  practically  the  same  construction  as  the  main  flume  box,  also 
the  same  grade  —  6% — :was  used  on  these.  Tlie  material  was 
dumped  by  means  of  gates  ,or  openings  in  the  sides  of  the  box, 
and  where  necessary  for  the  placing  of  the  material,  spouts  were 
attached  to  these  openings.  The  box  on  the  other  type  of  lateral 
had  telescopic  or  lap  joints,  and  was  of  lighter  construction 
throughout.  Grades  of  7  and  8%  were  necessary  with  these,  be- 
cause of  the  loss  of  grade  due  to  the  lapping.  The  material 
was  dumped  from  the  telescopic  boxes  by  simply  displacing  them 
at  the  joints  where  desired.  As  the  slopes  approached  the  crestj 
the  material  was  distributed  directly  ;  from  the  main  flume  by 
means  of  spouts. 

Sluicing.  Sluicing  was  started  Sept.  1,  1911,  and  carried  on 
as  nearly  continuously  as  possible  in  day  and  night  shifts  of  12 
hours  each.  Delays  were  encountered  due  to  weather  and  flood 
conditions,  so  that  sluicing  operations  were  maintained  67%  of 
the  total  elapsed  time  after  starting.  However,  the  fill  was 
completed  April  15,  which  was  earlier  than  had  been  anticipated. 

Weather  as  cold  as  5°  F.  above  zero  was  experienced,  and  the 
snow  on  the  ground  reached  a  depth  of  about  3  f t. ,  The  extreme 
cold  interfered  with  the  flow  of  the  sluiced  material  by  the 
freezing  along  the  edges  of  the  sluiceways  and  the  formation 
of  ice  on  the  sides  of  the  flumes.  Also  the  ice  on  the  sluicing 
pond  attained  considerable  thickness,  but  this  was  overcome  by 
laying  steam  pipes  around  the  edge  of  tlie  pond,  and  introducing 
live  steam  from  the  boiler  plant.  With  the  outside  temperature 
ranging  from  10°  to  25°  ¥.,  it  was  necessary  to  operate  the 
thawing  system  about  12  hours  out  of  48  to  keep  the  pond 
comparatively  free  of  ice. 

During  the  months  of  November  and  December  some  severe  de- 
lays were  occasioned  by  maintaining  the  temporary  spillway 
through  the  dam.  Further  delays  were  due  to  a  failure  of  the 
gravity  supply  of  water,  when  suitable  borrowpit  material  was 
not  available  at  an  elevation  to  be  economically  reached  with 
pumped  water.  , 

In  tjie  borrowpit,  a  nozzle  was  maintained  on  each  side  of 
the  pit,  the  two  being  operated  alternately  in  periods  of  about 
six  hours.  While  the  nozzle  was  in  operation  on  one  side,  the 
crew  would  remove  the  boulders  frpm  the  sluiceways,  and  put 
in  the  blast  holes  for  breaking  the  ground  on  the  other  side.  It, 
was  necessary  to  break  all  the  ground  with  powder.  "  Gopher  " 
holes  were  put  into  the  base  of  the  banks  to  a  depth  of  from  10 
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to  16  ft;;  also  in  places  where  the  ground  was  shallow  down- 
holes  were  put  in  by  driving  1-in.  drill  steel. 

The  larger  masses  resulting  from  the  heavy  shots  were  "bull- 
dozed" and  the  whole  further  broken  dowil  with  picks.  Through- 
dut  the  work  the  amount  of  powder  used  in  the  complete  breaking 
of  the  ground  ran  remarkably  close  to  %  lb.  of  powder  pe^  eil.  yd. 
In  the  "Gopher  holes"  25%  dynamite  was  used,  aifd  40%  was 
usfed  for  "  bulldozing." 

A  fairly  large  proportion  of  the  boulders  were  too  large  to  be 
transported  in  the  flumes  with  the  amount  of  water  available,  and 
these  had  to  be  handled  and  wasted  in  the  pit.  They  were  re- 
moved from  the  sluiceway  when  the  nozzle  was  not  in  operation, 
and  were  generally  thrown  out  on  the  side  toward  the  center  of 
the  pit,  so  as  to  form  a  wall  or  dike  which  would  copfine  the 
water  in  the  sluiceway  and  tend  to  throw  it  in  tovpard  the  bank. 
This  had  the  effect  of  cutting  out  the  sloping  toe  of  the  bank  and 
keesping  the  face  vertical,  which  was  of  considerable  help  in  put- 
tiitg.in  the  "Gopher  holes'."  It  is  estimated  that  10%  of  the  total 
material  removed  was  handled  and  wasted  in  the  pit.  Also 
when  the  sluicing  was  in  operation,  men  were  kept  in  the  sluice- 
way with  long,  pronged  rakes  removing  the  larger  boulders  and 
keeping  the  material  moving.  It  was  found ,  necessary  to  keep 
the  sluiceways  cleaned  right  down  to  bedrock,  or  the  material 
would  start  to  deposit  and  block  up,  even  where  the  grade  was 
as  steep  as  15  to  20%.  The  stream  from  the  nozzle  was  fre- 
quently turned  into  th^  sluiceways  to  push  the  material.  Later 
on  in  the  work,  flume  boxes  were  carried  up  closer  to  the  work- 
ing face,  and  this  did  away  with  much  of  the  work  Ot  maintain- 
ing the  open  sluiceways  on  the  bedrock. 

A  donkey  engine  was  used  for  pulling  and  removing  stumps  as 
they  were  undercut  by  the  excavation.  It  was  also  used  in  re- 
moving large  boulders,  and  a  stone-boat  was  used  to  some  extent 
in  removing  rock. 

Fluriie  tenders  were  stationed  on  the  flume  to  keep  the  ma- 
terial moving  when  blockades  started  to  form.  These  blockades 
were  fairly  frequent,  and  when  they  occurred  it  was  necessary  to 
stop^  sluicing  and  run  in  clear  water  from  the  nozzle.  Two 
men  were  kept  on  the  lateral  flumes  to  attend  to  the  depositing 
of  the  material  along  the  edge  of  the  embankment. 

As  the  material  was  deposited  from  the  flumes,  the  boulders 
and  coarse  gravel  would  form  conical  piles,  while  the  lighter  ma- 
terial was  carried  off  by  the  water  toward  the  sluicing  pond,  the 
material  being  graded  and  deposited  as  the  velocity  of  the  water 
decreased  until  when  it  reached  the  edge  of  the  pond  and  the 
velocity  was  entirely  checked,  all  sand,  etc.,  was  immediately 
dropped,  and  nothing  but  the  fine  clay  silt  was   carried  in  to 
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the  puddle  core.  From  the  edge  of  the  embankment  when  de- 
posited, the  material  forined  a  slope  of  about  5%'  until  the  edge 
of  the  pond  was  reached,  when,  it  dropped  o^,  abruptly  at  a  slope 
of  1  to  1.  The  surface  of  the  puddle  forming  the  bottom  of 
the  pond  wag,  practically  level. 

An  average  crew  of  eight' men  was  employed  in  Shoveling  to 
slope  the  piles  deposited  from  the  flumes.  ; 

No  difficulty  was  experienced  in  maintaining  the  slopes,  as  the 
outer  portion  of  the  embankment  was  built  up  entirely  of  boulders 
and  coajrse  material  which  gave  stable,  well-drained  slopes.  Boul- 
ders as  large  as  8' ins.  in  diattieter  were  delivered  through  the 
flumes. 

By  sluicing  from  different  sections  of  ■  the  borrowpit,  it  was 
possible  to  select  material  with  differing  proportions  of  clay  and 
coarse  ingredients.  This  proved  quite  helpful,  especially  as  the 
dam  neared  completion,  for  if  the  sides  were ,  huildijig  up  too 
fast  in  proportion  to  the  puddle,  material  could  be'  selected"  that 
carried  greater  proportion  of  clay. 

The  puddle  core  was  examined  on  several  occasions  when  the 
pond  Was  drawn  off,  and  showed  no  tendency  toward  stratifica- 
tion. The  first  few  inches  on  the  surface  of  the  puddle  was  very 
light  and  flulTy,  but  at  a.  depth  of  2  ft.  or  so  it  became  stiff  and 
fairiy '  solid,  showing  that  it  drained  and  solidified  rapidly. 

An  outlet  for  the  sluicing  pond  was,  in  the  earlier  stages  of  the 
work,  provided  by  a  timber  culvert  extending  in  from 'the  down- 
stream toe  of  the  dam  to  a  yertical  shaft,  also  of  timber.  This 
shaft  was  carried  up  as  the'  work  •prc^reSsed;  the  level  of  the 
pond  being  regulated  by  openings  or  gates  in  the  shaft.  The 
depth  of  the  pond  was  usually  kept  at  fro^m,  3;  to  6  ft.,  ficcording 
to  the  width  desired  for  the  puddle  core.  As  soon  as  the^  embank- 
ment had  reached  an  elevation  such  that  the  pond  backed  up  into 
the  north  end  of  the  cut-off  trench,  a  deep  narrow  ditch  was  cut 
from  this  into  the  spillway,  so  that  the  pond  would  now  dis- 
charge through  this  ditch,  by  way  of  the  cut-off  trench.  This  was 
desired  in  order,  that  any  current  set  up  in  the  sluicing  pond 
would  tend  to.,carry  piiddle , laaterial  up  into  the  nojjth.  end  of  .the 
trench,  for, it  was  feared  that  there. might, be  a  shortagerof ipud.die 
for  this  portion,  due,  to  thp  narrowness  , of  the  dam  section  here. 
The  level  of  the  pond  was  now  regulated  by  .placing  sandbags 
.in  the  entrance  tq;the  diteh,  and  the  waste  wattir  was  dischai^ed 
jfltp  tjtie^reserxpiri  by  means  pf  .a  sma,ll,  flume.  This,  was  done 
siniply  as  an  extra  precaution  in  order  .that  the, fine  material  car- 
ried by  ,the. waste, watqr, might  J;e;?d,t,o;?il.t, up  the  reservoir  floor. 
'"As  the, flii, neared  completion,  the  puddle  core  was  pa,rried  up.to 
high  waiter  elevation,  and  then,  in  topping  off  the  embankment, 
mixed  material  was  dumped  in  directly  from  the  fiumes  with- 
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out  maintaining  any  pond,     The  work  of  topping  oflF  was  started 
at  the  south  end,  the  water  draining  off  at  the  north  end. 

RECORD  OF  SLUICING  OPERATIONS 

Gravity 

aluicing    Pumping 

'  Number  of  24-hr.  days  worked  (214) 145  69 

Actual  sluicing  time,  hrs ^  2,347  1,084 

Time  efiUcieucy,    %    66  64 

Average  water  used,   sec.-ft...,. j.......: 5.6  3.0 

Material  placed  in  dam,  cu.  yds , 92,490  32,015 

Ratio  of  material  to  water,   % , 5.3  7.3 

Cu.  yds.  per  24  hrs.  straight  time 640  460 

Cu.  yds.  per  24  hrs.  sluicing  Jiime 946  709 

Cu.  yds.  per  sec.-ft.  of  water.. 169  236 

Cost.  Following  is  a  list  of  the  average  force  employed  in  the 
borrowpit,  and  on  the  dam : 

BORROW-TIT  CREW 

Day  Shift  — 

1  Foreman    ...•: • $5.75 

6  Drillers  (breaking  ground).  11%  hours  at  30  cts 20.70 

5  Laborers  (rocking  out  sluiceways),  11%  hours  at  30c.  17.25 

1  Nozzleman ; 4.0O 

Donkey  engine  crew   16.75 

Night  Shift  — 

1  Nozzleman $4.50 

4  Men  (breaking  ground  and  rocking  out),  11%  hours 

at   30   cts 13.80    • 

CREW  ON  DAM 
Day  Shift  — 
3  Flume  tenders  on  main  flume,  11%  hours  at  30  cts...    $10.35 

2  Tenders  on  lateral  flumes,  11%  hours  at  30  cts........        6.90 

8  Laborers  building  up  slope,  10  hours  at  27%  cts 22.00 

Night  Shift  — 

3  Flume  tenders,  11%  hours  at  30  cts. 10.35 

2  Tenders  on  laterals,  11%  hours  at  30  cts 6.90 

1  Foreman 5.75 

Total  labor  cost ^....  $145.00 

Powder  for  breaking,  1,000  cu.  yds.  =  260  lbs.,..> 30.00 

$175.00 

From  this  force  account  it  is  seen  that  when  sluicing  with 
gravity  water,  and  placing  1,000  cu.  yds.  per  24  hrs.,  the  normal 
capacity  when  no  delays  were  encountered  —  the  powder  and  direct 
labor  cost  of  taking  the  material  from  the  borrowpit  and  plac- 
ing it  to  slope  in  the  dam  was -practically  17^^  cts.  per  cu.  yd. 

The  cost  for  7  months  operation,  including,  in  addition  to  pow- 
der and  labor  costs  given  above,  all  labor  and  fuel  and  supplies 
for  pumping  plant  operation  and  maintenance,  superintendence, 
and  all  labor  and  material  for  maintenance  and  extension  to  pipe 
lines  and  flumes,  was  $54,277,  which  for  127,035  cu.  yd.  is  42.5 
cts.  per  eu.  yd. 
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A  summary  of  the  material  placed  in  the  dam  is  as  follows: 

Rock  from  spillway  cut \ 8,285 

Material  from  cut-off  trencli; 5,700 

Sluiced  from;-borrow-pit   (measured  in  excavation)....  129,364 

Total   cu.   yds 143,349 

Completed  structure   (measured  in  embankment) 148,390 

Excess  of  embankment  over  excavation  measurement, 

3.6%  , 5,041 

The  figure  given  ahove  for  excess  or  swell  would  be  modi- 
fied by  two  conditions. 

(1)  The  amount  of  fine  material  lost  with  the  waste  water 
from  the  siluicing  pond  would,  if  accounted  for,  increase  this 
figure. 

(2)  In  measuring 'the  excavation  in  the  borrow-pit,  the  piles 
of  waste  rock  left  in  the  pit  were  considered  as  solids.  If  the 
voids  in  these  were  corrected  for,  it  would  tend  to  decrease  the 
above  figures.  It  is  evident,  however,  that  with  no  losses  there 
should  be  a  considerable  excess  of  embankment  over  excavation  in 
taking  a  material  such  as  was  found  in  the  borrowpit  here  — 
which  as  far  as  voids  are  concerned  was  practically  a  natural 
concrete  —  a.nd  grading  it  into  coarse  and  fine  material. 

Bam  Construction  by  Cars  and  Hydr^ulicking.  In  Engineer- 
ing and  Oontraoimg,  July  19,  1911,  H.  L.  Bickerson  describes  a 
method  of  constructing  an  earth  dam  across  the  Willow  River, 
Oregon,  in  wjiieh  the  material  was  hauled  to  the  embankment 
in  cars  and  washed  into  its  final  place  iji  the  dam  by  nozzles. 


Pig.  26.     Section  of  Willow  River  Dam. 

To  secure  good  drainage  from  the  lower  side  of  the  structure, 
rock  fill,  approximately  100  ft.  wide  on  the  base  and  25  ft.  high, 
was  placed  across  the  canyon  on  the  lower  toe  of  the  dam.  Rock 
was  secured  from  the  lava  cap  on  the  north  side  of  the  canyon, 
which  was  shot  down  the  hill  and  placed  by  two  9  x  14-guy  der- 
ricks with  1-yd.  steel  skips  and  small  push  cars.  The  rock 
stripped  from  the  surface  of  the  site  and  excavated  from  the  cut- 
off trenches  was  also  wasted  atthis  point. 

A   dry   earth  dyke  was   extended   across   the   canyon   on   top 
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of;  the  rock  fill.  The  material  was  delivered  in  trains  of  five 
5%-yd.  cars  with  a  dinkey  engine.  The  end  car  of  the  train  was 
made  to  dump  endwise,  thus  extending  the  dike  in  that  direction, 
while  the  other  four  cars  were  dumped  toward  the  center  of  the 
dam,  the  material  from  the  side  dump  cars  being  washed  to- 
ward the  center  of  the  dam,  the  material  from  the  side  dump 
cars  being  washed  toward  the  upper  toe,  where  a ,  low  dry  dike 
was  maintained,  witli  water  forced  through  a  1%-in.  nozzle  under 
pressure  produced  by  a  750-gal.  ICmowles-  Underwriters  pump. 
The  lower  dike  was  kept  enough  higher  than  the  upper  one  so 
that  the  puddle  containing  the '  finer  and  Impervious  material 
was  always  nearer  the  upstream  face  of  the  dam,  and  the  coarser 
material  in .  the  lower  half  of  the  structure,  any  excess  'water 
being  drained  out  through  and  over  this  low  upper  dike.  The 
sluiced  material  was  usually  solid,  and  it  was  possible  to  walk 
on  any  part  of  the  puddle  shortly  after  water  was  turned  ofl'. 
Tests  made  during  construction  showed  that  the  wei^t  of  t'he  ma- 
terial in  the  pits  averaged  104  lbs.  per  cu.  ft.,  arid  in  the  dam, 
thoroughly  Saturated,  123  lbs.  The  quantities  as  measured  in  the 
dam  checked  the  quantities  computed  from  cross-section  of  the 
material  pits  Within  2i^%. 

Trains  placing  the  earth  fill  consisted  of  five  and  six  cars, 
the  end  car  being  a  rebuilt  car  to  dump  endwise,  thus  extend- 
ing the  dike  across  the  canyon  while  placing  material  into  the 
dam.  ,The  dump  crews  consisted  of  five  men,  three  on  the  dump 
shoveling  and. clearing  track,  and  two  ■vyprkihg  thp  nozzle  in  the, 
sluicing  operation.  Train  crews  consisted  of  engineer  and  brake-i 
man;  shovel  crew  consisted  of  engineer,  craneman,  fireman,  and 
four  pitmen. 

The  operations  were  carried  on  with  one  Model  40  Marion 
shovel  with  l?^-yd.  dipper,  two  14-ton  Vulcan  locomotives,  and 
sixteen  5%-yd.  Peteler  two-way  dump  cars,  all  standard  gage. 
The  material  was  sluiced  into  place  by  a  750-gal.  Knowles  Under^ 
writers  puinp,  served  by  a  60-hp.  Kewanee  boiler,  and  the  rock 
fill  was  placed  With  two  9x14  American  Hoist  &,  Derrick  Co.'s 
guy  derricks. 

Placing  earth  from  the  borrow  pits  was  commenced  on  Aug.  12, 
1910,  and  on  Jan.  22,  1911,  the  dam  was  completed  to  the  100-ft. 
elevation,  286,000  cu.  yds.  having  been  placed.  The  work  was. 
carried  on  in  two  10-hr.  shifts,  laying  off  one  shift  per  week  for' 
general  overhauling  and  repairs  to  plant.  The  best  monthly  run 
was  in  September,  1910,  when  63,570  cu.  yds.  were  placed  in  55 
shifts,  or  an  average  of  1,156  cu.  yds.  per  shift. 

The  average  haul  from  pits  to  dam  was  2,500  ft.  The  pits  when 
opened  up  were  1,200  ft.  in  length,  with  an  18-ft.  face.  For  the 
completion  of  the  structure 't6  125-ft.  elevation,  new  pits  are  to  b& 
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opened  up  directly  north  of  the  dam  and  the-  excavation  thiis 
made  is  to  serve  as  the  permanent  spillway. 

In  the  preparation  of  foundations,  19,000  cu.  yds.  of  material 
were  excavated,  alLby  hstnA,  and  wasted  both  outside  and  inside 
the'  slopes  of  the  dam.  This  material  consisted  of  large  boulders, 
brush  and  vegetable  matter,  soil  and  silt,  part  of  the  excavation 
being  wet,  and  all  being  transported  either  by  wheelbarrows,  or 
small  push  cars.  The  cost  per  cubic  yard  for  this  work  was 
$1.28.  The  cost  of  9,000  cu.  yds.  of  rock  fill,  including  cost  of 
drilling  and  shooting,  was  $1.41  per  cu.  yd.  This  cost  also 
iiicludes  transporting  to  place,  1,117  cu.  yds.  of  concrete  in  the 
outlet  tunnel  and  controlling  works  was  $14.82  per  cu.  yd. 
The  cost  of  the  earth  fill  was  as  follows,  per  cu.  yd.: 

Excavating,  and  Loading : 

Labor  drilling   •...  2.3 

Labor  shoveling    4.7 

Powder 2.7 

Fuel 3.3 

,     ;     ,    Total    ,.. • 13.0 

'  Hauling  and  Placing: 

Labor,  track   „. .■.-.., 1-4 

Labor,  dumping  and  sluicing    10,6 

Fuel,  engines  and  pumps   _. : 6.4 

Total 18.4 

Grand  total,  cts.  per  cu.  yd 31.4 

This  gives,  a  cost  per  cubic  yard  for  labor  of  19  cts.,  and  for 
mateHal  of  l2.4  cts.  The  wages  paid  were  as  follows  per  10-hr. 
day:  "_^'^ 

Common  labor $2.25  to  2.75 

_Steam  shovel  enginemen   6.17'' 

Steam  shovel  crafiemen 4.67  .   ' 

Locomotive  «uginemen  ,., 4:00 

Carpenters    '...'. 4.00 .to  4.50 

The  average  cost  of  lumber  at  th,e  site  was  $25.00  per  M  ft. 
B,M.;  cost  of  cement  $446  per  bbl.,  and  cost  of  coal  $13.50  per 
ton.  ,      .  .,;..-   I  ,    ~i  , 

HydrauUcking  the  Los  Angeles  Dam.  Engineering  '  fiecord, 
Feb.  3,  1912,  gives  the.  fqllowing;  The  South  Hawaii  dai;n  of  the 
Los  Angeles  Aqueduct  was  composed  of  earth  delivered  in  dump 
oars  and  jettied  to  place  by  streams  of  water  delivered  froin 
nozztes..  The  dam  is  designed  to  contain  559,750  cu.  yds-,  of 
earth,  exclusive  of  the  contents  of  the  cut-off  trench.  It  is  1,523 
ft.  long  and  has  a  height  at  the  center  of  91  ft.  The  width  at 
the  top  is  20  ft.  and  the  slopes  are  2%  to  1  on  each  side.  . 

The  bed  rock  is  overlain  with  a  decomposed  tufa  shale.  Test 
pits  75  or  80  ft.  deep  were  dug  and  the  soil  stood  up  without  tim- 
bering.   Ar  trench;  was  then  excavated  by  steam  shovel  to  a  deptb 
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of  14  ft.  along  the  axis  of  the  dam.  This  was  filled  with  water 
and  within  a  week  the  ground  settled  12  ina.  for  distances  as 
great  as  75  ft.  each  side  of  the  trench.  This  proved  that  it  was 
necessary  to  take  the  cut-off  trench  to  bed  rock,  which  was 
reached  at  a  depth  of  120  ft.  Ground  water  was  encountered  at 
a  depth  of  75  ft.  The  material  was  mainly  shale  soils  with  a 
3-ft.  stratum  of  sand  and  gravel  at  the  bottom. 
;  This  trench  was  icxcavated  with  light,  stiff-leg  derricks,  and 
-dump  buckets.  The  spoil  in  the  dumps  was  hauled  to  the  lower 
toe  of  the  dam  with  scrapers.  The  trench  was  timbered  through- 
out. The  impervious  core  was  composed  of  clay,  which  was 
excavated  by  an  electric  shovel  and  hauled'  an  average  of  1,000 
ft.  in  dump  wagons  to  the  side  of  the  trench,  into  which  it  was 
pushed  by  a  road  grader.  The  trench  was  kept  filled  with  Water, 
and  the  force  of  the  fall  thoroughly  compacted  the  clay.  The  coat 
of  the  cut-off  trench   (27,032  cu.  yds.)   was  as  follows: 

Labor     '...'........_ ._ $22,422 

Live   stock 2,280 

Materials  and  supplies 1,843 

Electric  power   957 

Freight    630 

Total  excavating  cost  ?28,132 , 

Cost  per  cu.  yd .^ $1.04 

Timbering: 

Labor $15,144 

Live  stock 457 

Other   charges 25,790 

Total  for  timbering  '. $41,391 

Cost  of  timbering  per  cu.  yd .' $1,53 

Gost  of  pu,ddle  fill  per  cu.  yd.... 0.315 

Grand  total  cost  per  cu.  yd $2,885 

The  material'  for  ithe  body  of  the  dam  was  excavated  from  a 
pit  1,000  ft.  from  the  dam  with  a  60-ton  Marion  steam  shovel. 
The  soil  was  loaded  into  4-yd.,  double^aide  ,dump  cars,  and  hauled 
in  three  trains  of  7  cars  each  by  three  18-ton  Vulcan  locomotives, 
running  on  a  3-ft.  gage  track.  While  one  train  was  being,  loaded, 
another  was  in  transit 'and  the  third  was  being  dumped.  The 
grades  were  3,%  up-grade  for  loaded  trains  and  6%  down-grade 
for  empties.  The  shovel  had-  a  2.5  yd.  dipper ;  two  dippers  filled 
each  car.  When  conditions  were  favorable  it  required  4  mins. 
to  load  a  train.  From  400  to  500  cars  were  loaded  in  two 
shifts.  The  day  shift  accomplished  about  50%  more  than  the 
night  shift.  The  best  day's  run  up  to  Oct.  31,  1911,  when 
184,000  cu.  yds.  had  been  placed,  was  700  cars  or  2,100  cu.  yds. 

The  hauling  track  divided  when  it  reaches  the  dam,  a  branch 
running  up  along  each  toe.     Thus  two  walls  were  built  up. 
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The  waters  of  two  streams  were  discharged'  in  the  space  be- 
tween these  walls,  and  in  the  pool  thereby  formed  two  steel  pon- 
toons were  floated.  These' pontoons  were  20x10x2.5  ft.  in  size. 
Each  carried  a  6-in.  centrifuga-l  pump  direct  connected  to  a  30-hp. 
electric  motor.  Power  was  supplied  through  an  insulated  cable 
thus  allowing  changes  in  the  location  of  the  pontoons.  Th« 
water  was  discharged  through  a  2rin.  nozzle  against  the  banks 
of  earth  dumped  from  the  trains.  The  earth  was  washed  down 
towards  the  center  of  the  pool,  the  coarser  material  remaining 
at  the  edges  of  the  pool  and  the  finer  stuff  going  to  the  center. 
This  center  material  was  very  fine  ^  and  clayey.  The  use  of 
two  tracks  permittedf  one  to  te  shifted  and  raised  while  the  other 
was  in  use.  The  cost  of  the  first  184,000  cu.  yds.,  including 
50,000  eu.  yds.  plaodd  by  wagon  work,  was  22  qts.  per  eu.  yd. 
The  cost  of  the  work  complete  was  estimated  to  be  about  15'Cts. 
per  cu.  yd.  ,  ,'  -  ■   ,   t 

Hydraulicking  the  Abott  Brook  Dike.  Engineering  and  Con- 
tracting, Feb.  26,  1913,  contains  aii  article  ^  descriptive  of  the 
plans  and  methods  used  in  constructing  the  Abott  Brook  Dike,, 
an  earth  dam  located  oil  the  westerly  side  of  Sawyer  Lake,  near 
the  headwaters  of  the  Androscoggin  River.  This  dike. is  900  ft. 
long,  165  ft.  wide  at  the  base,  and  about  16  ft.  wide  at  the  top, 
and  has  a  6'in.  planli  core  composed  of'  two  layers  of  3-in. 
plank.  The  total  volume  of  the  dike  is  46,000  cu.  yds.,  of 
which  amount  1,600  cu.  yds.  were  placed  by  manual  labor  to 
form  the  toe  of  the  dike,  and  for  the  puddle  fill  at  each  side  of 
the  core  in  the  cut-off  trench.  ,  About  .31,165  cu.  yds,  were  pdaced 
by  hydraulic  sluicing  methods. 

The  plant  used  comprised  two  150-hp.  turbine  driven  pumps, 
direct  connected  to  3-stage,  Syin.  centrifugal  pumps,  designed 
to  run  at  speeds  ranging  from  1,800  to  2,6o0  r.p.m.  The  main 
pressure  line  of  pumps  to  borrowpit  was  600  ft.  long  and  10 
ins.  in  diameter.  Braftches  connecting  this  m^in  with  a  2-in. 
giant  were  350  ft.  long  and  7  ins.  in  diameter.  Steam  to  fun 
the  turbines  was  furnished  by  a  battery  of  8  boilers,  consisting 
of  two  50-hp.,  three  40-hp.,  and  three  30-hp.,  and  a  feed  water 
heater.  Steam  pressures  at  the  boiler  ran  from  80  to  150  lbs., 
and  the  pump  pressure  was  from  45  lbs.  per  sq.  iti.  down  to  20 
lbs.  per  sq.' in.,  depending  upon  the  elevation,  with  an  average 
of  about  45  lbs.  per:  sq.  in.,  with  a  2-in.  monitor  discharge  stream. 

Two  water  jets,  with  a  pressure  of  from  20  to  80  lbs.'  per  sq. 
in.,  were  directed  against  the  bank  in  a  borrow  pit  at  the  northerly 
end  of  the  dike.  The  foijce  of  the  water  was  so  great  that 
although  the.  nozzles  were  securely  mounted  on  swivel  bases,  a 
long  lever  had  to :  be  attached  to  each  nozzle  to  enable  one  man 
to  control  it;  under  certain  conditions,  two  men  were  required. 
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The  flumes  were  rectangular  wooden  structurBs,  supported  on 
wooden  trestles,  built  with  even  slopes  from  the  borrow  pit  to 
the  dike.  The  main  flume  was  about  1,000  ft.  long,  and  the 
main  trestle  about  40  ft.  high  at  the  tallest  poiijt.:  The  laterals 
discharged  at  the  edges  of  the  fill,  ajjd  in  thiS;  way  the  loose 
stones  and  coarse  material  remained  at  the  edge,  and  the  finer 
and  silt  were  carried  toward  the  center.  , 

The  dam  was  situated  far  from  the  railroad,  and  it  was  diffli- 
cult  to  get  a  suflioient;  supply  of  coal. .  The  little  that  could 
be  obtained  cost  $20  per  ton,  and  it  became  necessary  to  use  wood 
for  fuel.  A  total  of  1,860  cords  of  wood  were  burned,  Counting 
the  55  long  tons  of  soft  coal  used  as  pquivalent  to  2  cords 
each  of  wood,  the  equivalent  of  1,970  cords^  of  wood  were 
burned. 

The  material  was  a  glacial  .drift  pf  sand,  gravel,  clay,  and 
small  stones  so  firmly  compacted  that  it  was  found  advisable  to 
resffrt  at  times  to  dynamite,  Holes  about  8  ft.  deep  and  8  ft. 
apart  were  drilled,  and  about  6  lbs.  of  16%  dynamite  used  per 
hole,  and  set  off  in  batteries  of  from  three  to  seven  holes.       |_ 

Sluicing  was  carried  on  for  32  (lO-hr.)  days  and  for  68  (24-ir..) 
'days;  equivalent  to  82  full  days.  The  men  worked  on  two 
shifts  of  12  hours  each,  working  week  days  and  Sundays  con- 
tinuously, the  only  stop  being  for  unavoidable  delays  in  clean- 
ing and  repairing.  The  average  yarflage  placed  per  day  was 
380  cu.  yds.;  tlie.bept  weekly  record  was  3,891  cu.  yds.,  an  aver- 
age of  556  cu.  yd^,  per  day.  These  measurements  were  deter- 
mined by  weekly  cross  sections  of  the  embankment.  The  volume 
of  solids  moved  in  the  water  averaged  a  little  better  than  6%. 

Hydraulicking:  the  Somerset  Sam,  Vt.  Engineering  News,  Dec. 
25,  1913,  gives  the  following:  This  dam  is  located  at  what  was 
Peck's  Mill  in  the  town  of  Some;rset,  V.t.  It  is  2,100  ft.  long  on 
the  crest  and  has  a  finished  height  of  106  ft.  It  contains' about 
one  million  cu.  yds.      ^ 

A  cut  was  opened  with  steam  shovels  to  a  borrowpit  on  the 
west  sid.e  of  the  dam.  This  cut  was  run^  for  about  a  half  mile 
on  an  upgrade  of  5%,  maximum,  passing  through  a  numl?er  of 
rock  ledges.  The  location  of  the  pit  was  a  gently  rising  slope 
which  by  test,  pits  had  been  found  to  contain  a  glacial  drift  with 
some  30%  of  clayey  material  and  running  from  very  fine  ma- 
t^pial  to  sand,  gravel  aiid  boulders,  well  graded.  The  pit  was 
opened  up  on  two  levels  and,  as, the  height  of  the  dam  inci'eased, 
the  shovels  worked ;  fartjier  up  the  hillside,  the  result  being  that 
the  downgrade  from  th^  pit  .to  the  dam  was  gradually  decreased, 
though  not  much.  At  fi,r^t  there  were  seven  dinkey  locomotives 
(19-ton)  and  70  '4-yd.  narrow  gage  cars.  For  the  last  season's 
work,  however,  three  more  iocbmotives  were  put  on  and  30  niore 
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cars,  making  in  all  10  locomotives  and  100  cars.  During  the  last 
season  too,  a  borrowpit  was  opened  up  on  the  east  side  of  the  dam 
and  a  third  2%-yd.,  steam  shovel  put  in,  reducing  the  length  of 
haul  for  a  considerable  part  of  the  fill. 

First,  in  startiiig  thfe  fill,  a  couple  of  20  to  30-ft.  trestles  were 
run  out  some  50  ft.  inside  the  upstream  and  downstream  toe  lines 
^of  the  dam,  and  material  from  the  pit  was  dumped  off  these,  work- 
ing out  from  both  ends  of  the  dam.  These  four  toe  fills  were 
thus  pushed  out  until  the  water  was  reached  when  the  gap  in  the 
upper  dike  was  filled  in.  When  this  was  done,  the  water  rose 
until  the  entire  flow  was  ttoough  the  conduit;  The  pool  be- 
tween the  two  dikes  could  then  be  drained  through  the  gap  in 
the  lower  dike  and  the  remaining  work  of  stripping  the  site 
completed. 

When  the  work  was  in  this  stage,  a  pumping  plant  was  built 
just  above  the  dam,  taking  water  from  the  reservoir  for  6-in. 
supply' pipes  laid  along  both  trestles.  There  were  iii  this  plant 
three  60-hp.  locomotive  boilers,  two  compound  duplex  pumps 
rated  at  750  gals,  per  min.  at  200  lb.  pressure,  and  one  smaller 
pump  as  a  spare  unit.  Only  150  lbs.  pressure  was  held  on  the 
pipe  lines,  however.  The  lines  were  fitted  every  50  ft.  with  T 
fittings  and  valves  for  connecting  on  lengths  of  3-in.  rubber 
sMcing  hose  fitted  with  1%-in.  taper  nozzles  mounted  on  port- 
able wood  stands  as  monitors. 

The  material  dumped  from  the  trestlies  was  undercut  with 
streams  from  these  nozzles  and  washed  down  into  position!  A 
pool  was  created  between  the  two  dikes  and  the  finer  material 
settled  in  the  center.  At  times  alum  was  used  in  the  sluicing 
water  to  increase  the  precipitation  of  clayey  material,  but  this 
was  finally  abandoned  as  unnecessary.  An  IS-iii.  concrete  pipe 
was  carried  up  from  a  hole  in  the  outlet  condait.  Through 
this  the  excess  water  was  drained  and  the  depth  of  the  pool 
regulated,  being  allowed  to  vary  between  10  and  20  ft.  The 
outside  faces  of  the  two  dikes  were  filled  with  coarser  material 
and  boulders  from  the  pits,  and  this,  on  being  washed  down 
into  place,  gave  satisfactory  rock  face  without  riprapping. 

When  the  washed  fill  reached  the  level  of  the  trestles,  the 
tracks  were  shifted  inward.  Five  heights  of  trestle  were  run 
in  during  the  work  on  the  dam.     The  old  timbers  were  not  pulled. 

Samples  were  taken  at  each  5  ft.  along  the  length  of  the 
dam  to  see  if  suflicient  fine  material  was  being  deposited  to 
build  up  an  I  impervious  core.  In  sounding  the  center  pool  the 
bottom  at  each  stage  was  always  found  quite  hard,  and  the 
examination  of  the  accumulated  samples  shows  that  the  fine 
material  has  considerable  binding  property.  The  two  yestrs  oc- 
cupied in  construction,  1911  to  1913,  gave  opportunity  for  set- 
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tlement  which  was  small,  but  the  dam  was  carried  to  an  ex- 
cess height  of  4  ft.  to  provide  for  future  shrinkage. 

Accident  to,  and  Keconstruction  of  the  Charmes  Sam.  Eri- 
gvneermg  and  Contracting,  May  29,   1918,  gives  the  following: 

The  Charmes  Dam  in  France  was  completed  in  W06.  It  is 
about  1,190  ft.  long,  55  ft,  high,  and  22  ft.  wide  on  top.  The 
up-stream  face  is  built  in  5.5-ft.  steps,  giving  a  general  slope 
of  1%  to  1.  The  down-stream  slope  is  flatter  and,  has  a  slightly 
concave  force.  ,     , 

The  dam  was  constructed  in  a  series  of  layers  of  good  clay 
mixed  with  5%  of  fine  crushed  rock,  each  layer  being  puddled 
and  rolled  with  a  corrugated  roller.  The  layers  were  5  ins. 
thick  before  rolling,  which  reduced  them  to  3  or  4  ins.,  mak- 
ing the  earth  remarkably  hard  and  compact.  Allowance  was 
made  so  as  to  make  it  follow  the  required  slopes,  and  the 
layers  were  put  in  rapidly  to  be  always  on  freshly  puddled 
material.  The  face  was  paved  or  covered  with  concreted  slabs 
8  ins.  thick,  with  clay  joints. 

After  the  dam  had  been  in  use  three  years  a  longitudinal 
fissure  developed  a  little  above  the  top  bench  on  the  inside 
slope.  The  water  was  being  drawn  off  at  the  time,  and  as, its 
height  was  lowered  a  slide  developed.  The  amount  of  the 
slide  was  about  26,2Q0  cu.  yds.  It  was  decided  that  the  re- 
pairs would  be  made  of  the  same  clay  compacted  by  the 
same  process  to  a  proper  hardness,  and  for  security  it  was 
decided  to  reinforce  the  lower ,  part  8  ft.  above  the  cut-off  wall, 
the  foundation  of  it  being  considered  perfectly  good.  Two  other 
conditions  were  adopted,  first,  the  physical  improvement  of  thie 
Charmes  clay  by  the  addition  of  a  considerable  amount  of 
small  pebbles;  second,  the  construction  of  buttresses  in  the  re- 
inforcements. 

The  necessity  of  adding  pebbles  to  the  clay  to  be  used  for 
the  puddled  wall  48  ft  high  on  a  slope  of  1.5  to  1  was  deter- 
mined upon,  which  plan  had  been  used  at  the  Liez.  dam,  and,, 
probably  on-account  of  which  it  has  stood  for  25  years;  and  was 
used  in  the  Wassy  dam  repairs.  Such,  a  mixture  is  very  much 
superior   to  any   other  for   puddled   material   for   dams, 

There  being  no  pebbles  or  gravel  in  the  vicinity,  it  was  neces- 
sary to  resort  to  crushed  stone  which  was  a  valuable  material 
and  could  not  be  used  wastefully.  Experiments  were  made:  to 
determine  the  proper  amount  to  be  used  and  20%  was  finally 
adopted  as  best.  The  earth  work  for  the  repairs  was  done 
largely  by  hand,  using  small  horse  drawn  cars  to  transport 
the  materials. 

The  addition  of  buttresses  was  considered  necessary,  and  it 
was  decided  they  need  not  go  all  the  way  up  the  face  of  the 
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dam,  as  insisted  upon  by  some  constructors,  but  only  to  be 
carried  up  to  the  height  of  the  danger  zone  or  29  ft.  above  the 
top  of  the  cut-off'  wall.  They  were  4  ft.  7  in.  thick  and  aver- 
aged 49  ft.  in  length.  '  They:  were  built  of  concrete  similar  to 
that  eniployed  in  like  work.  Where 'they  join  the  cut-ofif  wall 
they  are  enlarged  in  the  form  of  a  girder,  thus  approaching  the 
form  of  a  solid  of  equal  resistance. 

Particular  precautions  were  taken  to  prevent  "  water  ways '' 
where  water  would  follow  the  junction  of  the  puddled  material 
and  the  concrete  masonry,  so  the  buttresses  were  put  in  at  a 
time  and  in  a-  manner  that  they  would  not  interfere  with  the 
rolling /Of  the  puddled  material.  The  plan  for  the  restoration 
comprised  a  complete  drainage  system  from  the  top  to  the  bot- 
tom. 

The  paving  slabs  were  made  by  crushing  the  broken  ones 
from  the  former  work,  using  an  excellent  sand  to  make  the 
concrete.     The  new  top  step  was  an  improvement  over  the  old. 

The  repairs  were  made  from  1909  to  1911  and  were  quite 
difficult,  as  the  year  1910  was  unfortunately  very  rainy.  The 
cutting  away  of  the ,  slide  and  old  face  was  done  in  the  first  6 
months  and  all  the  work  was  carried  out  under  considerable 
difficulty.     The  total   cdst   of   the  work  was   500,000  franlcs.      • 

A  Slide  on  tie  Stanley  lake  Dam.  John  E.  Hayes,  in  Etigineer- 
itig  News-Record,  Maj  31,  1917,  gives  the  following:  This  dam 
was  hastily  built.  At  first  material  was  dumped  from  trestles 
on  the  up  and  down  stream  toes  into  a  pond  of  water  that 
was  kept  between  the  trestle  embankments.  At  the  30-ft.  level 
it  was  found  that  the  puddle  material  was  not  drying  out. 
Thereafter  up  to  64  ft.  elevation,  material  was  scattered  in 
thin  layers  with  teams  and  scrapers  over  the  puddle  core  area, 
sprinkled  by  means  of  hose,  and  compacted  by  the  team  travel. 
Above  the  64-ft.  level  to  the  top  of  dam  at  70  ft.  elevation  the 
trains  were  depended  upon  for  consolidation.  The  dam  was 
completed  in  1912.  In  the  summer  of  1916  while  watet  was 
being  drawn  from  the  reservoir  a  large  part  of  the  up-stream 
face 'of  the  dam  slid  into  the  reservoir.  Approximately  88,000 
cu.  yds.  of  material  was  displaced.  Owing  to  the  different 
methods  of  construction  adapted  this  dam  was '  not  a  homogene- 
ous structure. 

Slide  on  the  Calaveras  Sam.  Engi/neeririg  and  Contracting, 
July  10,   1918,  and  Jan.  8,   1919,  gives  the  following: 

The  Calaveras  Dam  was  being  built  about  36  miles  south- 
east of  San  Francisco  by  hydraulicking;  Its  top  length  was 
to  be  1,300  ft.  and  its  top  width  25  ft.  The  upstreain  slope 
was  3  to  1 ;  the  downstream  slope,  3%  to  1 ;  and  the  maximum 
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distance  between  ujpstfeam  and  downstream  toes,  1,312  ft.  Its 
finished  height  at  th&  center, was  to  be  210  ft.  aboye  grpund 
level,  jplus  30  ft.  above  the  bo^toin  of  a  wide  excavation  to  solid 
bed  rock.  About  half  the  material  in  lihe  dam  was  a  dry  rock 
fill  used  in' both  toes;  the '  rest  was  an  earth  fill  deposited  by 
hydraulic  sluicing.  The  earth  fill  was  half  clay  and  half  sand 
and  gravel  hydraulicked  from  nearby  hills.  The  coarse  material 
was  crushed  before  entering  the  conveyance  pipes.  The  hydrau- 
licked material  was  dumped  on  the  edge  of  the  pool,  thus  per- 
mitting the  clay  to  separate  and  flow  to  the  center  of  the 
pool. 

The  failure  did  not  occur  without  warning,  but  the  great 
mass  of  earth  slid  out  within  five  minutes  after  it  started  to  go. 
There  had  been  a  slight  horizontal  movement  of  the  upstream 
slope  of  the  dam  as  early  ,as  June  18,  1917,  whereupon  sluicing 
was  discontinued  until  Feb.  12,  1918,  except  for  a  period  of  12 
days  in  the  summer  of  1917.  On  March  4,  three  weeks  after 
sluicing  had  been  resumed,  another  slight  horizontal  movement 
of  the  upstream  face  occurred.  Sluicing  was  again  stopped,  but 
10  days  later,  March   14,  the  failure  occurred. 

The  depth  of  the  hydraulic  fill  in  the  center  was  155  ft.  at 
the  time  of  failure.  In  five  minutes  800,000  cu.  yd.  slid  out, 
leaving  about  2,000,000  cu.  yd.  still  in  place.  The  2,000,000 
includes  the  whole  of  the  downstream  part  of  the  dam.  At  the 
time  of  the  failure  the  reservoir  was  partly  full,  the  water 
being  about  55  ft.  deep.  The  cost  of  replacing  the  upstream 
material  will  be  more  than  $500,000.  The  original  estimate  of 
the  cost  of  the  complete  dam  was  $2,500,000,  and  it  was  to 
have    contained    3,085,000    cu.    yds. 

Beginning  March  16,  1916,  it  was  the  practice  to  have  a  man 
periodically  force  a  1%-in-  pipe  into  the  hydraulic  fill,  and  this 
practice  was  continued  till  Jan.  24,  1917,  when  the  "  ball  test " 
was  adopted.  The  material  in  the  core  was  so  plastic  that  the 
pipe  could  be  forcpd  down  to  a  depth  of  90  ft.  On  Feb.  12,  1917, 
the  ball  test  was  begun,  and  it  was  found  that  a  6-in.  cast  iron 
ball  sank  by  its  own  weight  45  ft.  into  the  soft  clay  fill,  or 
half  the  depth  that  the  pipe  was  forced.  By  July  27,  1917, 
the  depth  of  penetration  of  "the  ball  was  35  ft.;  a  month  later 
it  was  12  ft.;  and  on  Jan.  21,  1918,  it  was  only  5  ft.  From 
this  test  it  was  apparently  reasoned  that  the  fill  had  dried  out 
suffciently  to  be  safe. 

See  Chapter  XVIII  for  a  description  of  the  construction  of 
this  dam. 

Bibliography.  "  The  Design  and  Construction  of  Dams,"  Ed- 
ward  Wegmann—"  Reservoirs   for   Irrigation,   Water-Power   and 
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Domestic  Water  Supply,"  James  Dix  Schuyler — "  Earth  Dams," 
vBarr  Bassell.  . 

[  "  The  Bohio  Dam,"  George  S.  Morison,  Tran.  Am.  Soc.  G.  E., 
Vol.  48,  1902 — "  Hydraulic.  Fill  Dam  of  the  Necaxa  Light  and 
Power  itlant,"  Trans.  Am.  Soc.  C.  E.,  Vol.  58,  1907. 


CHAPTER  XXI 
DIKES  AND  LEVEES 

This  chapter  relates  solely  to  the  design  and  construction 
of  earth  embankments  along  rivers,  lakes  and  oceans,  to  exclude 
water  from  low  lying  lands.  The  reader  is  referred  to  Chapters 
VI  and  XX  for  data  on  making  embankments  water  tight.  For 
methods  and  costs  of  protecting  embankments  with  brush  mat- 
resses  and  sheet  piling,  and  for  surfacing  slopes  with  concrete 
and  stone  masonry,  see  the  author's  "  Handbook  of  Cost  Data." 

The  Locatiou  of  Levees.  This  is  discussed  by  Arthui:  A.  Stiles, 
State  Levee  and  Drainage  Commissioner  of  Texas,  in  a  report  is- 
sued in  1913. 

The  problem  involved  consists  in  providing  a  channel  for  the 
flood  flow  of  the  stream.  This  can  be  done  either  by  confining 
it  to  the  usual  channel  between  high  levees  or  by  increasing  the 
channel  section  by  building  the  levees  away  .from  the  river. 

It  is  a  well-known  characteristic  of  over-flowed  river  valleys 
that  the  ground  surface,  rising  gradually  from  the  base  of  the 


Fig.  1.  Typical  Cross-Section  of  River  Channel,  Showing  Prob- 
able Distribution  of  Current  Velocities  in  Ft.  Per  Sec.  and  Their 
Influence  Upon  Levee  Positions. 

foothills  at  each  side  of  the  flood-plain,  reaches  its  greatest  ele- 
vation at  the  banks  of  the  channel  overlooking  the  principle 
stream.  Hence,  a  levee  to  be  of  minimum  height  and  maximum 
protection  should  be  built' along  this  crest,  but  a  stable  positian, 
cannot  be  obtained  so  near  the  channel,  and  the  distance  which 
should  separate  the  proposed  levee  from  the  adjacent  stream  bank 
may  be  regarded  as  the  result  of  a  compromise  between  practical 
interests,  and  other  more  technical  requirements. 

Fig.  1  shows  the  advantage  of  setting  the  levee  back  to  where 
it  will  be  subjected  only  to  the  wash  of  slow  moving  water. 

Land  lying  between  the  levee  and  the  normal  channel  isj  in^  a 
way,  wasted,  as  it  should  be  kept  clear  to  permit  the  passage  of 
water.  Where  levees  are  built  on  a  tidal  stream  fences  of  brush 
should  be  built  across  this  waste  land  from  levee  to  channel  at 
frequent  intervals.  These  will  in  time  build  up  the  waste  ground 
go  that  it  wilj  fprjn  a  considerable  reinforcement  to  the  levee.  : 
'  1247      • 
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Design  of  Dikes  for  Salt  Marsh  Reclamation.  This  .is  dis- 
cussed in  Engineering  cmd  Contracting,  Sept.  6,  1911,  as  follows: 

.Dikes  for  tide  marsh  reclamation  are  made  of  earth,  but  tljey 
differ!  from  the  levees  used  on  rivers  in  that  they  must  be  so  lo- 
cated M^  designed  as  to  withstand  the  action  of  the  waves. 
The- best  protection  against  waves  is  to  have  the  dike  a  safe  dis- 


Form  of.OiheMatle  of  Claij  or  Chijey  Loam 


Form  ofDiheMaae  ofSand  orSandyLoam 
Oerm ^-^#  v  Meadow 
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Pig.  2.    Typical  Dike  Sections  for  Different  Materials. 
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Fig.  3.    Method,  of  ^Preparing  Base  for  a  Dike. 

tance  from  the  shore,  never  less  than  .the  width  of  the  base  o{  the 
dike,'  and  a  greater  distance  if  v?ave  heights  require  it.  The  cross- 
seetional  dimensions  dependi  upon  the  material  available  for  con- 
struction and  the  length  of  time  the  water  will  remain  against  the 
dike. '  Thre^  forms  of  dike  sections  are  shown  in  Figs.  2  and  3. 
-The  ground  is  cleared  and  broken;  up  under  the  base,  and  where 
'  very,  wet' is  frequently  ditched  along  each  edge  of  thei  dike  about 
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6  ft.  ; inside  the  toes,  as  shown  by  Fig,  3,  The  dirt:  from  thesg, 
ditches  ia  used  for  the  toes  of  the  dike  and  the  ditches  them- 
selves are  filled  with  the  new  material,, from  which  the  embank- 
ment is  made.  It  is  preferable  .practice  to  borrow  the  material 
for  embankment  from  the  water  side.  The  borrow  pits  should 
be  located  well  away  from  the  toe  of  the  dike. 

Design  of  a  Dike  for  Tidal  Marsh  Keclamation.  Engineering  ' 
and  Contracting,  Nov.  15i  1911, '.describes,  the  reclamation  of 
marsh  land  on  a  tidal  stream  at  Gape  Cod,  Mass.  A  dike  900 
ft.  long,  22  ft.  wide  on  top,  was  built.  See  Fig.  4.  A  roadway 
runs  along  the  top  of  the  dike  the  crown  of  which  is  at  grade 
17.7  ft.  above  mean  low  water,  or  about  7  ft.  above  ordinary  high 
tide.     The  maximum  bottom  width  is  about  68  ft.     The  filling 
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Fig.  4.     Typical  Section  of  Dike,  Herring  River  Keclamation, 
Cape  Cod.      ^ 


was  "obtained,  from  pits  in  the  hills  a,t  each  end  of  the  dike,  and 
was  hauled  in  automatic  side,  dumping  cars  of  about  3  cu.  yd.  ca.- 
pacity.  The  20-in.  gage  track  was  laid  so  that  the  cars  ran  out 
from  the  pit  by  gravity ;  the  empty  cars  were  pushed  back  on 
the  level  track  along  the  dike  by  two  men,  and  drawn  up  the 
grade  to  the  pit  by  a  rope  and  hoisting  engine.^  The  sand  was 
placed  at  a  labor  cost  of  about  8  ct.  per  cubic  yard,  the  haul  being 
about  450  ft.  ^,- 

Along  the  center  line  of  the  dike  from  end  to  end  4-in.  splined 
spruce  sheeting  was  driven  about  6  ft.  into  the  river  bed,  the  top 
of  the  sheeting  extending  nearly  to  the  top  of  the  dike.  The  up- 
stream slope  of  the  dike  is  backed  by  a  6-in.  layer  of  ^graniie 
chips.  Some  of  the  flocks  in  this, facing  weigh  more  than  3., 
tons,  ani  the  whole  construction  appears  to  be  very  safe  alid 
durable.  Above  the  heavy  facing  the  protection  is  the  same  as 
on  "the  upstream  slope.  The  top  of  the  dike  is  surfaced  with  a 
n^ixture  of  fine  sand' afid  clay  silt,,  and  ^s,  sufficiently  compact,  tp, 
make  a  fair  roadway,  for  light  teaming.     ,  ,    ;i 

levee   Sections   on   the   Mississippi   and   Sacramento ,  Jliver^Wi 
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Fred  H.  Tibbitts,  in  Engineering  and  Contracting,  Apr.  9,  1913, 
gives  thfe  sections  shown  in  Fig.  5.  The  California  levees  are  not 
subject  to  flood  for  such  long  periods  as  those  on  the  Mississippi: 

'■    ■  Klin  Bern)  Lohasiaetoir'  ■' 

Slope  yubtersldelcnstl  "   r:  I         ■        I     I     ion3- 

\t?wt"<lfri"lti     r^'  I'r-ln-r:;^  ■''*Muckbtu:W~'Sonqu€tK'"'_ 

El'-'     '   ;•   V    Standard  Cross  Section  of  Mississippi  River  Comm. 

■  ■  ,     '•  .         — niij  [*"' 

,  .„<L.  •■  '.   ^)  rl'Tn  l"rn''nn^  lon4: 

|-— -— i_^,,^_^^j^ir-. •■^■■■■lor,}    Tr  .III  ™~.- 

-"■ ,■■,■,■,.,..,,,,..,-/.—,;  \LC.-Wu(S(OSfft 

Standard  Levee  Cross  Section  or  Upper  Vnzdo  Levee  District 

JYorRiVerLevees  ..-j/O'i— .  ^„.20*..«         ,.    ,,. 

5  toSTortncft  Levees"--..  J ^-jiLyiL     "  lOJlJJarLirr;?- /  vL;--  .  ,i, 

jip    Oabnev  Com.  andCalifornia  Debris  CoMM         1*'"''^^' ■'fc|LV^.".;Lp "■''^"' 

i      ..,      ROR  Sacramento  River  >y*7"WTJ'^i- 

|— flf-j      NatomasComsoudatedof 
jr--^..j»j..,,iy,,j,^„^^iP  Reclam  Disr.N'IOOO 

Borrow  Rf 

Reclamation  Diet.  104  Adopted  Plan  for  Back  Levees" 

FbrLowarSection  ForUpper  Section 
^-::::::4(f-.-:.-j^\......^r:s(f....L^ 

>:...lom  X'^fcn'l  ^%i^lonli 

West  Sacramento  Co.  River  Levee  ReclAm.  Dist  N'^0 

Reinf  Concrete racing,iii^  -|. /prig..  t*-io'M 

iA 

Muck  Ditch 
WestSacramento  Co. Back  Levee  Reclam  Dist.N°900 

l^'BorrowPif  MucKoT^^FT  ■- 

Netherlands  Farms  Ctx  Proposed  Back  LcvEE  IN  Yolo  BiNSiN  _      ..    „ 

Fig.   5.     Standard  Levee  Sections  on  the  Sacramento  and  Mis- 
sissippi Rivers. 

They  are  subject  to  greater  wave  action,  and,  being  built  of  sand, 
they  have  not  been  ao  generally  successful  as  the  levees  on  the 
Mississippi. 
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Enlarging  and  Slope-Walling  a  Levee  on  the  Wabash  River. 
This. is  described  by  George  C.  Graeter  in  Engineering  News,  3aji. 
4,  1917.  This  levee:  was  builj;  in  1895  at  a  cost  pf  $74,500;  A 
total  length  of  8.6  miles  of  l^vee  reclaiined  7,500  acres  of  bot- 
tom and.  marsh  land  which  now  has  a  value  of  $100  per  acre. 

In  1904,  $4,000  was  spent  for  repairs;  in  1912,  $18,300  for  re- 
pairing breaks;  and  in  1913,  $14,500  for  .repairing  breaks  and  for 
placing  concrete  at  the  riverside  toe  of  slope  on  12,500  ft.  of  the 
upper  end.  Maintenance  has  cost  $14,000  (or  about  $650  per 
year ) ,  most  of  this  being  spent  in  digging  out  ground-hog  and 
mole  burrows  and  mowing  the  levee.  Thus  the  cost  of  repair  and 
maintenance  up  to  1916  was  over  66%  of  the  first  cost  of  con- 
struction, and  the  leyee  was  still  in  poor  condition. 


6mc^  3'aboye  191}  Flood  Line 
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Fig.  6.    Wabash  River  Levee  Showing  Earth  Enlargement  and 
Concrete  Facing. 

In  1916  the  Levee  Committee  adopted  a  plan  of  raising  the 
Jevee  and  facing  it  vith  concrete,  see  Fig.  6. 

The  concrete  extends  for  about  12,500  ft<  from  Kiverton  to  a 
sand  ridge.  It  consists  of  199,100  sq.  ft.  of  facing  and  154.3  cu. 
yd.  of  footing.  The  earth  enlargement  on  this  upper  section 
averages  231  cu.  yd.  per  100-ft.  station;  on  the  next  20,000  f^. 
beyond  this  ridge  it  averages  163  cu.  yd.  per  station,  and  then  for 
about  6,700  ft.  the  average  is  240  cu.  yd.  per  station.  The  total 
enlargement,  including  a  short  stretch  of  relocated  levee,  amounts 
to  88,000  cu.  yd. 

On  the  section  that  is  being  concreted  the  earth  enlargement 
(28,890  cu.  yd.)  is  being  put  up  by  a  reconstructed  Monighan 
dragline  excavator.  The  remainder  of  the,  enlargement  is  being 
constructed  with  teams,  using  drag  and  wheel  scrapers.  The 
shrinkage  allowance  was  20%  for  dragline  work  and  10%  for 
team  work.  The  top  and  land  slope  of  the  levee  were  plowed,  and 
all  stumps  and  brush  were  removed  before  placing  the  fill  for  the 
enlargement.  The  Levee  Committee  provided  borrow  pits  with- 
out expense  to  the  contractor.     The  specifications  permitted  ma- 
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terial  tb'  be  taken  on  either 'side  of  the  levee,  hut  required  it  to 
be  taken  on  the  river  side  where  possible.  No  material  was'  to 
Tie  tikeil  within  22  ft.  of  ttie  toe  of  the  old  slope,  and  new  pits 
;\*'ere  not  allowed  to  be  more  than  3^  ft.  deep.  ' 

The  contract  prices  for  this  wdrk  were  20  ct.  per  cu.  yd.  for 
earth  enlargement  and  $6.60  per  cu.  yd.  for  concrete  facing, 
''levee    Construction    by    Dragline    EkcaTators    on    the    little 
River  Drainage  District,  Mo.     B.  F.  Burns,  in  Engineering  and 
Contracting,  July  18,  19'l7,  gives  the  following: 

For  the  main  diversion  channel  and  levee  a  strip  is  cleared 
approximately  400  ft.  wide.  From  this  all  brush  logs  and  debris 
are  removed.  The  stumps  on  the  berms  are  cut  to  24  in.  above 
the  ground,  but  ielsewhere  they  are  cut  to  such  heights  as  will 
enable  them  to  be  removed  with  stump  pullers,  stump  pullers 
and  skidders  being  a  necessary  part  of  the  contractor's  equip- 
ment. As  the  work  goe&  forward  the  floodway  strip,  900  ft. 
in  width,  is  cleared  and,  before  the  final  completion  of  the  sys- 
tem, all  logs,  brush  and  debris  are  removed  so  as  to  permit  of 
the  free  movement  of  the  flood  water  over  it. 

Following  the  clearing  of  the  channel  and  levee  base  area  the 
stumps  'are  broken  with  dynamite  and  removed  and  the  roots 
grubbed  out  so  that  the  material  will  be  practically  free  from, 
fibrous ,  matter  when  excavated;  from  the  channel  and  placed  in 
the  levee.  .        i  ;     ,      .     . 

The  work  was  divided  into  two  contracts.  Contract  "A" 
including  that  part  from  AUenville  west,  and  contract  "  B  "  that 
part  east  of  AUenville.  '  "'     '  '  ' 

The  operation  of  stripping  and  diggihg  muck  ditch  on  Con- 
tract "  B,"  is  done  by  caterpillar  tractor  having  a  boom  length 
of  70' ft.  and  a  bucket  capacity  of  li^  yd.  The  machine  works 
over  the  channel  area  for  a  stretch  of  approximately  2,000  ft., 
remdving  the  surface  material  for  a  depth  of  6  in.  or  more,  and 
depositing  the  same  on  the  levee  area  at  the  limit  of  its  boom 
reach.  It  then  tracks  back  and  begins  stripping  the  levee  base 
area,  removing  the  surface  material  to  about' the '  same  depth  as 
on  the  channel,  and  placing  the  stripping  outside  of  the  levee 
base  area  and  also  removing  that  taken  from  the  channel,  which 
It  places  with  the  leVee  stripping.  As  the  machine  moves  over 
the  levee  base  alrea  it  excavates  the  muck  ditch,  6  ft.  wide  and 
8  ft.  deep,  and  places  that  material  along  the  outer  toe  line  of 
the  levee.  As  the  le-(ree  is  finished,  the  stripping,  which  is  quite 
free  from  roots  and  other  material  objectionable  for  levee  con- 
struction, -will  be  shaped  into  a  banquette  of  such  height  and 
with  such  crown  as  the  rtiaterial  will  inake. 

An  experiment  in  the  use  of  dynamite  for  the  excavation  of 
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muck  ditches  was  made  soon  after  the  construction  started. 
The  muck  ditch  at  that  point  was  but  3  by  4  ft.  The  experi- 
ment was  not  successful  as  the  ditch  was  unsatisfactory. 

The  Character  of  the  soir  under  the  levees  was  determined  by 
borings  made' to  a  depth  of  11  ft.,  along  tlie  center  line,  at  in- 
tervals of  300  ft;  These  borings  indidfl-ted  that'  at  one  point  the 
soil  was  su«h  that  an  ordinary  mudk  ditch  would  not  effectually 
cut  off  seepage.  Further  investigation  showed  the  extent  of  that 
condition  to  but  little  more'  than  100  ft.  along  the  center  line 
of  the  levee,  and,  in  lieu  of  a  muck  ditch,  a  wall  of  Wakefield 
sheet  piling  was  driven.     These  were  driven  to  a  penetration  be- 


Fig.  7.    Movement  of  Dragline  Machines  in ,  Constructing  Levees. 


low  the  sandy  strata,  and  allowed  tq;  protrude  4  ft.  ;,above  rthe 
surface,  penetrating  the i levee  to' that  extent. 

Two   machines   are   required   to    excavate   the   main   diversion 
cliannel.         ,  . 

'.  On  CoBitract  "  B,"  the  .first  machine  is  a  Bucyrus  drag  liive, 
halving  a=125-ft.  booni  anda '3%-yd.  bucket.  This  machine  track;8 
along  the  channel  near  the  center, ,  line  ,  an4[  excavates  approxi- 
mately. 65%  of  the  material.  This  it  places  over  the. levee  area 
'in  layers  about  8  ft.  in-depth,  making  two  lifts..  In  depositing 
the  material  for /the  flrst'lift,  the. movement  is  clockwise  and  ija 
placing:  the  second  lift  it  moves  in  the  opposite  direction,  ^ee 
Fig.  7.  The  earth  is  compacted  by  dropping  at  least  8  ft.  . 
The  second  machine,  a  Bucyrus  drag  line,  100  ft.  boom,  4-yd. 

■  bucket,  tracks  along  the  berm  and  removes  the  remainder  pf  the 
material  in  the  channel.     It   likewise  deposits  the   material,  in 

■  two  lifts  p,nd  operates  in  the  same  manner  as  machine  1.   .  U^u- 
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ally  machines^  1  and  2  are  at  leas!. 2,000  ft.  apart.  ," Machine  2 
carries  the  levee  to  its  shrinkage  grade  and  section. 

The  operations  on  Contract  "A ''are  similar  to  those,  on  Corn- 
tract  ,"  B,"  with  the  exception  that; the  stripping  is  removedi  and 
muck  ditch  excavation  is, made  by  tl^  pilot  machine,  which,  also 
excavates  about  30  per  cent  of  the  channel.  Two  Bucyrus  drag 
lines,  100-ft.  booms,  3i^-yd.  buckets,  are. in, use  on  this  contract. 

The  material  handles  more  easily  if  there  is  some  water  in  the 
channel,  but,  if  there  is  too  .much,  it  makes  the  material  unstable 
foi;  levee  building  and  slides  result.  Except  during  periods  of 
heavy  rain,  the  stage  in  the  channel  is  controlled  by  pumping, 
dams  being  left  in  the  channel  at  intervals  and  the  water  pumped 
from  the  sections  where  operations  are  in  progress. 

The  crew  of  a  drag  line  excavator,  electrically  operated,  consists 
of  the  runners,  who  work  in  8-hr.  shifts,  a'  foreman,  three  labor- 
ers, a  helper  and  a  spotter,  who  work  12  hr.  The  machines  op- 
erate during  the  entire  24-hr.  period. 

The  following  statement,  covering  the  operations  of  the  con- 
tractor for  one  year,  is  of  interest:       > 

Total  yardage,  four  electric  machines 2,682,330  cu.  yd. 

Total     yardage,   'ithree     steam     machines, 

including  stripping  and  muck  ditch . .       980,750'  cu.\  yd. 

Current  consumed  during  year 1,952,240  K.  W.  H. 

Coal  consumed  during  year * 4,350  tons 

Grubbing  during  year 155>ci<es 

Dynamite  used  during  year  133,000  lb._" 

Average  number  of  men  employed,  contract  "  A,*"'  102  men. 
Average  number  of  men  einployed,  contract  "  B,"  187  men. 

The  above  indicates  that  under   similar   operating   conditions 
it  requires  0.756  K.W.H.  per  cu.  yd.  to  excavate  earth;  and  that 
0.9  lb.  of  coal  is  required  for  the  same  purpose. 
'  Levee  Construction  in  Texas  with  iDragUnes.     In  Engineering 
and  Contracting,  July  17,  1918,  O.  W.  Finley  gives  the  following: 

The  first  levee  Work  of  any  magnitude  on  the  Trinity  River 
in  northern  Texas  was  begun  in  June,  1914,  when  a  levee  10  ft. 
high  and  44,000  ft.  long  was  built  for  the  protection  of  9,040 
acres  of  very  fine  black  flood  land  in  Kaufman  County.  This 
"levee  has  since  beeri  raised  to  18  ft.  height.  The  levee  was  con- 
structed by  an  old  steam  skid  and  roller  dragline  machine  which 
has  long  since  been  junked  and  has  now  been  replaced  by  18 
new  machines,  15  of  which  are  Monighan  gas  walking  machines, 
one  a  Bucyrus  mutipedal,  one  a  gas  skid  and  roller  and  one  a 
steam  skid  and  roller.  The  18  machines  are  of  the  following 
types  and  sizes: 

All  the  small  machines  have  vertical  triple  cylinder  gas  en- 
gines while  all  the  larger  or  No.  2  and  3  machines,  except  the 
Bucyrus,  have  horizontal  single  cylinder  gas  engines.    The  Bu- 
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cyrus  has  a  triple  vertical  type  engine  and  is  an  excellent  dirt 
mover. 

Up  to  May  18,  1918,  a  fraction  more  than  100  miles  of  levee 
had  been  built  in  which  had  been  placed  6,540,000  cu.  yd.  of  earth. 
Seldom  more  than  15  of  the  machines  are  working  at  the  same 
time,  the  others  are  moving  from  one  job  to  another,  but  nearly 
500,000  cu.  yd.  are  being  moved  per  month,  or  an  average  of 
about  30,000  yd.  for  each  machine.  The  larger  machines  some- 
times excavate  more  than  60,000  yd.  a  month. 

The.  contract  price  for  these  levees  is  about  10  ct.  per  cu.  yd: 
The  cost  per  acre  for  reclamation  varies  from  $14  to  $70.  It 
is  stated  that  these  lands  are  so  valuable  for  agriculture  that  ex- 
penditures up  to  $100  per  acre  are  justifiable. 

Machines  for  Building  Levees.  J.  R.  Slattery  in  Engineering 
News,  May  25,  1916,  gives  the  following:  The  floods  of  1912  and 
1913  resulted  in  a  number  of  crevasses  in  the  Mississippi  River 
levees  which  it  was  imperative  to  repair  before  the  next  flood 
period.  Recognizing  the  inability  of  existing  team  outfits  on  the 
river  to  handle  this  work  economically,  the  Mississippi  River 
Commission  directed  that  careful  consideration  be  given  to  the 
problem  of  selecting '  sliitable  mechanical  devices '  for  levee  ccin- 
struction.  .    ' 

TABLE    I.— AMOUNT   AND   YARDAGE    COSTS    OF   MISSISSIPPI 
RIVER  LEVEES 

Price  per 

Fiscal  year  Cu.  yd.  cu.  yd. 

1882-90    i 1,672,619  28,83 

1891-92 979,154  22,37 

1892-93    : 793,365  21.12 

1893-94 785,642  17.50           i 

1894-95 1,326,255  11.19 

1895-96    -. 1,149,411  9.26- 

1896-97     256,153  11.70 

1897-98    4,141,326  12.67 

1898-99    2,845,342  U.67 

1899-1900    1,840,340    ,  17.30 

1900-1901    614,940,  13.52 

1901-2                              21,932  18.56 

1902-3    '.'.'.'.'.'.v. 8«.589  17.21 

1903-4                         1,905,842  17.24 

imLc     1,040,708  17.40' 

1905-«  ■■  ■     ....; 429i632  1S.75 

ionfil?  305,507  21.89 

IootIs  918,504  20.55 

tqo8-9  986,674  25.31 

I909I10 303,878  22.08 

'  "  "1910I11  ;:;;:;:.  906,751        20.34 

■»JT  ■  191W2     420,260  11.64 

1912-13    ,.., 1,072,305  25.80 

Specifications  for  levees  above  the  Red  River  require  that' bor- 
row pits  shstU  be  40  ft.  from  the  base  of  the  levee  on  the  river  side' 
and   100  ft.  from  the  base  of  the  levee  on  the  land  side.'   Side 
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sjlopes;of[  borrow  pits  must  be  yery  flat.  ;  i  Below  the  , Red  iRi;Ver 
borrow  pits  may  be  within  20  ft.  of  the  base  of  the  levee  on  thftt 
river :sii<J,e  and  within  80.  ft,, on  the, land  side.,    ;    :  • 

The'  generally  smaller  levpe^  bejlow  Red,  River,  and  the  more' 
liberal  pit  speGiflcations,fpr  them  madgithe  selectiqn  of,ar,suiJ;able 
type  of  machine  for  their  construction  niuph  J^ss  .  difficult  than 
the  selectiqn  of  a  machjne  for  levees  above  Red  River.  The  ma- 
chin?,  selected  ;vpas  the  dragline  excavator,  of,  the  self-contained, 
revolving  locomotive  crane  type,  arranged  to  operate,  an  orange- 
peel,  cl^ms.hell  or  (irag-Une  bucket  at  a  radius  of,  90  or  125  ft. 

,  ,Th^  machii^es ,  are,  mounted  on  four-wheel  trucks  and  are  pro- 
vided, ,with  the  necessary  mechanism  for  perfornaing  the;  opera- 
tions of  traveling  and  hoisting,  rotating  and  operating  a  bucket,, 
Track  is  provided  fpr  the  machines  to  work  on  doii^ing  low-water 
stages  and  barges  from  which  to  operate  the^, during  high-wate^/ 
stages.     The  barges  are.  likewise ,  used,  to  transport  the  machines 
from  one  job  to  another,     The  crews  of  the  machines  are  hoiised, 
on  quarter-boats..    The  .first  machine  with  its  barge,  quar^ter-boat, , 
track  and  equipment  cost  approximately  $40,000.     The  secqnd  and , 
third ,  machines  purchased  are  stronger  ^nd  of  greater  capacity , 
than  the' first  I  one,  and  the  Ifi^t  jna(ijhinei  purchased  has,  be,en,iSO,| 
successful  as  to  warrant  its  adoption  with  minor  modifications 
as  a- type  for  work  in  the  Fourth  District,  particularly  below  Red 
River.     This  type  machine  will  handle  a  3-yd.  orangepeel  bucket 
or  a  .5-yd.  dragline  or  clamshell  bucket  at  a  radius  of   126  ft. 
from  the  center  of  the  machine.     The  cost  of  machines  of  this 
type  fully  equipped   and   provided  with   a   quarter-boat  for   the 
housing  and  care  of  crew  and  coal  barge  for  supplying  it  with  coal 
will  be  approximately  $60,000.     This  figure  does  not  include  the 
cost  of  a  barge  from  which  to  operate  it  during  high  stages  and 
with  which  to  move  the  machine  from  point  to  point.     The  cost 
of  a  steel  barge  suitable  for  this  purpose  is  about  $18,00i0.     It 
will  not  be  necessary  to  provide  a  barge  for  every  machine.     It  is 
thought  that  with   these  machines   it   will   be   possible  to   place 
earth  in  the  levee  system,  wherever  rehandling  is  unnecessary,  at 
field  costs  of  from  5  to  10  ct.  per  cu.  yd.,  exclusive  of  the  cost  of 
clearing  aftid  grubbing '  when  this  is  necessary.     When   material 
can  be; placed  in  the  levee  without  rehandling  this  type'  of  ma- 
chine is  believed  to  be  the  most  economic  for  levee  work. 

Above  the  mouth  of  the  Red  River  the  levees  beQpnie  much 
higher  than  below  the  Red,  and  this  fact,  together  with  the  more 
difficult  pit  specifijsations,  necessitates  greater  reach  on  the  part 
of.  the  machines.  The  considera,bly  greater  reach  led  to  the  se- 
lection of  cablew.ay,  machines  for,  trial ^in  preference  , to.  drag-line 
ma,Ghines; 
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Above  Greenville  the  average  height  of  the  levee  system  is  20.7 
ft.;  the  average  width  of  the'fexisting  riverside  pits  is  258  ft.;  ,the 
average  amouiit  of  material  to  be  added  to  the  jexisting  levees 
to  bring  them  up  to  the  gra4.e;and  section  calculated  toj^be  neces- 
sary to  contain  safely  such -a  flood  as  that  of  1912  is: 2,150 'cu. 
yd.  per  100  ft.  station.  In  order  to  obtain  this  amouttt  of  ma- 
terial it  is  necessary  to  go  out  63  ft.  beyond  the  existjrig  river- 
side pit.  The  1  outer  edge  of  the  resulting  pit  wpuld  then  be  428 
ft.  from  the  center  line  of  the  crown  of  the  existing  levees.  Even 
if  this' .earth  were  all  to  be  placed  on  the  river  side,  dragline 
excavajtors  to  do  this  work  without  rehandling  would  hate  to  han- 
dle their  buckets  on  boonis  approximately  200  ft.  long.  -  See  Fig. 
8.         ■  ■  .'  '  '■'     '.'■  ' 

A  machine  was  sought  that  would  take  all  the  material  from 
the  river  side  of  the  levee  beyond  the  limit; of  the  old!  pits,  and 
place  it  either-  on  the  river  side  or  the  land  side.  A,  cableway 
of  the; Iiidger\*ood  type  (Pig.  6)  was  purchased  and  started  to 
work  on  the  upper  end  of  the  Third  District. ;. 

The  first  cost  of  a  cableway  of  this  type  erected  and  equipped 
is  about  $45,000.  It  has  a  clear  span  of  662  ft.i  The  towers  are 
of  steel,  85  ft.i  and  45  ft.  high  respectively,  and  support  between 
them  a  214-in.  icable.  On  this  cablfe  travels  a  carriage  which  car- 
ries a  3-yd.  dragline  bucket.  Derricks  are  provided  on  each 
tower  for  handling  the  track. 

The  crew  of! this  machine  consists  of  1  foreman  rigger;  1  op- 
erator ; ;  1  rigger's  helper ;  1  engineman ;  1  fireman ;  1  signalman ; 
8  laborers;  (trackmenj)  3  on  tail  tower  and  5  on  head  tower,  3 
laborers  (dressing  levee),  3  teamsters  (plowing,  dressing  levee, 
and  hauling  supplies ) ,  : 

From  April  to  December,  inclusive,  in  1915^  ;153,900  cu.  yd. 
of  matei'ial  were  placed  at  a  cost  of  15  ct.  per  cu.  yd.  Delays 
were  caused  in  September  and  December  by  high  water, 

levee  Building  with  an  Oglesby  Tower  Dragline.  Engineer- 
ing and  Contracting,  May  12, ;  1915,  gives  the  following:  _ 

The- main  tower  (Fig.  10) ,  consists  of  a  timber  frame,  78  ft. 
high  of  iO  X  14-in.  timbers  on  a  24  x  27-ft.  base.  The  tower  is  sup- 
ported on  a  platform  of  seven!  12  x  16-in.  timbers  40  ft.  long  laid 
on  wheel  trucks  spaced,  32  ft.  The  wheel  trucks  are  each  com- 
posed of  four  20%-in.  double  flange,  iron  wheels  running  between 
two  12  X  16-in.  timbers  24  ft.  long.  Upon  the  platform  are 
mounted  three  607in.  drums  and  a  pony  drum  operated  by  double 
12%-in.  by  15-in.  Plbry  engines  and  a  150-hp.  locoinotive  boiler.^ 

The  operator's  platform  is  26  ft.  above  the  tower  base.  Control 
is  secured  through  seven  levers  and  six  pedals  connected  with  the 
drums  by  pipes  to  the  platform.     The  dragline  sheave  may  be 
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raised  and  lowered  to  suit  varying  heights  and  slopes  of  levee. 
The  slack  cable  and  tail  rope  6perja,te~6ver  shestves  at  the  .top  of 
the  tower.  The  cableway'  is  attached  within  the  tower  to  a  throw 
wheel  double  block,  the.  rope  from  which  leads  over  the  central 
drum. 

The  tail  tower  consists  of  a  -platform  20  x  20  ft.  laid  on  five 
12xl2-in.  by  20-ft.  timbers  supported,  on  two /^hree- wheel  trucks 
spaced  16  ft.  TTie  gallows  frame  isi24  ft.  high  and  the  counter- 
weight boom  24  ft.  long.  Timber  se'ats  are  used  for  both  the 
gallows  frame  and  the  boom.  The  boom  se^t  is  slightly  rounded 
to'  the  segment  of  a  circle  having  a  cord  of  about  6  ft.  and  a  mid- 
dle ordinate, of  about  8  in.'  This  joint  is  unique  and  bears  an  im- 
portant part  in  facilitating  thfe  movement  ot  the  tail  towers,  as 
described  later.  A  vertical  boiler  and  second-hand  hoisting  engine 
are  mounted  on  the  platform  of  the  tail  tower.  The  counter- 
weight consists  of  a  timber  box  filled  with  earth. 

This  tail  toweris  a  loose  jointed  structure  and  has  an  impor- 
tant function  in  absorbing  shocks  oceaisioned  by  sudden  stoppage 
of  the  bucket.  It  acts  as  a  safety  valve  in  the  operation  of  the 
machine. 

The  dragline  and  slacTi  line  cables  are  11^  in.  in  diameter  and 
the  tail  rope  is  %  in.  diaineter.  These  cables  have  handled  154,000 
.  cu.  yd.  of  earth  up  to  the  present  ifime  and  very  little  wear  is  ap- 
parent. No  trouble  of  any  kind' has  been  experienced  with  the 
cables.  In  this  connection  the  s'heave  arrangement  is  worthy  of 
note. 

Bucket.  The' bucket  was  designed  by  C.  G.  Oglesby  and  made 
in  Memphis,  Tenn. 

The  average  time  required  for  a  round  trip  of  the  bucket  from 
the  back  of  the  borrow  pit  is  3  minutes.  As  a  rule  the  bucket 
pushes  about  1  cu.  yd.  of  earth  in  front,  some  of  which  falls  off 
and  builds  up  th,*  berm.  The  amount  of  earth  moved  in  a  trip 
varies  from  5  to,;  9  cu.  yd.  The  average  bucket  load  of  a  day's 
run  is  probably  6  cu.  yd. 

For  dumping,  the  elevation  of  the  dragline  sheave  has  been  so" 
adjusted^  that  the  teeth  of  the  damped  bucket  follow  naturally  the 
face  of  the  1  to  3  levee  slope!,  This  facilitates  the  use  of  the 
bucket  in  dressing  the  levee  face.  The  bucket  is  dragged  ov'fer 
the  earth  already  placed  in  the  levee  to  the  dumping  point.  The 
compaction  resulting  from  the  repeated  passage  of  the  loaded 
bucket,  the  average  weight  of  ijwhich  exceeds  15,000  lb.,  is  an  im- 
portant factor  in  securing  a  stable  levee. 

When  the  earth  is  we;t  the  three  stage  method  of  placing  is 
employed  as  shown  in  Fig.  II;  Ordinarily  the  earth  is  placed  the 
full  height  for  each  runway. 
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Two  men  with  shovels  are  employed,  finishing  and  smoothing 
the  earth  placed  in  the  levee.  If  the  earth  is  quite  wet  when 
placed  and  drys  out  in  clods,  a  Morijion  scraper  is  used  to  advan- 
tage in  smoothing. 

The  costs  given  here  are  not  representative  of  the  cost  of  hand- 
ling earth  with  the  Oglesby  machine  since  they  include  the  cost  of 
developing  the  machine  to  its  present  state.  ,\,The  costs  given,  more- 
over, do  not  include,  accurate  repair  or.  construction  costs  on  the 
machine  or  the  contractors'  overhead  cost.  These  costs  are,  how- 
ever, estimated  at  $25  a  day.  The  operating  costs  it  is  believed 
by  Mr.  Oglesby  could  be  materially  reduced  by  increasing  the 
boiler  capacity  and  thereby  Teducing  the  coal  loss  resulting  from 
the  use  of  forced  draft  on  the  present  boiler  and  by  Using  a  10-cu. 
yd.  bucket.     The  amount  of  earth  to  be  moved  on  the  job  does 


Fig.  11.     Stage  Method  of  Buildihg  Levee  When  Earth  Is  Wet. 

not,  however,  justify  these  changes.  Table  I  gives  the  daily  op- 
erating cost  of  the  excavator. 

The  machine  ias  operated  up  to  Apr.  20,  1915,  a  total  of  1,914 
hr.  and  has  built  154,031  cu.  yd.  of  compact  levee,  an  average 
hourly  output  for  the  whole,  job  of  80  cu.  yd.  The  .best  day's 
work  was  on  April  18,  and  amounted  to  1,610  cu.  yd.  of  compacted 
levee,  a  length,  of.  70  ft.  On  that  day  the  cost  of  building  finished 
levee  was  approximately  8  ct.  a  cu.  yd.     ,      ,  -  ,    _ 

It  must  be  borne  in  mind  when  comparing  the  costs  of  this 
work  with  team  work  that  the  average  haul  for  wheelers  would; 
be  not  less  than  400  ft.  The  machine  is  essentially  long  haul, 
shallow  pit  type  of  excavator.  j 

.  :The  machine  was  erected  early  in  1914,  and,  after  numerous  de- 
lays incidental  to  the  development  of  a  pioneer  imachine,  was  ^well 
started  Sept.  1,  1914.  Work  was  interrupted  by  high  water  on 
the  Mississippi  for  a  month. in  1915.  On  April  20,  1915,  a  total 
of  154,000  cu.  yd.  had  been  moved  and  it  is  estimated  the  job  will 
be  completed  by  Aug.  1,  1915. 

The  daily    (12-hr.)    cost  of  operating,  the  excavator  was: 

"      '     1  foreman  at  $150  a  month,  20  days  J    7.50 

1  runner  at  $150  a  month,  20  days ^-"^ 

3  trackmen  at,  $?  •• j'qq 

1  fireman     : o'nn- 

1  tail  tower  engineman   ....:..;.... "•-. 

1  tail  tower  helper    i "-"ft.: 
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2  levee  trimmers  at  12,50 5.00        '' 

1  extra   man    2.Q0  ■ 

1  pump  engineman  2.50  . 

'  1  team  and  teamster'  5.00 

1  night    watchman 2.50 

Total  daily,  lahor  cost  %  46.00 

Fuel. 

7  tons  coal  (on  3  boilers)  at  $7.75  54.25 

'   Oil  and  waste   .'. i 1.50 

Total  daily  labor  and  fuel  cost  $101.75 

'Repairs,    depreciation    and    overhead    expenses    eeti- 
,  .    mated:  tov^   normal  conditions 24.00 

Total  daily  operating  cost  . .......; ; $125.75 

1  Output  April  11-20,  100  hr.  operated,  compacted  levee, 

cu.    yd.    8,754 

Earth  actually  placed  in  levee,  allowing  25%  shrink- 
age per  12-hr.  day,  cu.  ydr  v 1,340 

Approximate  cost  per  cu.  yd.  compacted  levee,  ct 11.7 

Approximate  cost  per  cu.  yd.  earth  moved  (no  shrink- 
age),   ct. 9 

Building  Levees  with  a  Hydraulic  Dredge.  In  Engineering 
News,  Oct,  29,  1914,  appears  the  following  by  Jean  M.  Allen: 

Sand  or  gravel  dredged  by  the  hydraulic  process  is  not  carried 
entirely  in  suspension  by  the  water  in  the  discharge  pipe,  but  the 
heavier  material  settles  and  flows  along  the  bottom  at  a  velocity 
much  lower  than  the  impelling  water.  This  is  specially  true  if 
the  pipe  line  is  long  or  the  velocity  of  the  discharge  water  is 
low.  This  action  can  be  utilized  to  build  embankments  of  as 
steep  a  slope  as  1  on  1,  directly  from  the  discharge  pipe. 

This  is  accomplished  by  what  are  called  "  shutter  pipes,"  which 
are  lengths  of  ordinary  slip-joint  discharge  pipe,  generally  made 
of  No.  10  to  14-sheet  steel  and  in  lengths' of  from  16  to  18  ft., 
with  openings  in  the  bottom.  (See  Fig.  12.)  These  openings 
are  controlled  by  steel  plates  or  shutters  and  may  be  opened, 
or  closed  at  will.  A  stretch  of  these  pipes  is  laid  on  a  trestle 
and  the  discharge  pipe  from  the  dredge  is  connected  to  them. 
When  the  shutters  are  opened  the  sand  flows  at  about  the  con- 
sistency of  thick  mortar,  building  up  into  a  steep  embankment. 

The  discharge  pipe  is  continued  beyond  the  shutter  pipe  in 
order  to  carry  away  the  surplus  water  and  avoid  washing  down 
the  levee  which  has  been  built.  The  shutters  should  be  spaced 
3  to  4  ft.  apart,  and  should  be  attached  to  the  pipe  with  chain  or 
wire,  otherwise  m,any  will  be  dropped  into  the  flU  and  lost. 

Many  sizes  and  types  of  dredges  have  been  used,  with  discharge 
pipes  12  to  20  in.  in  diameter,  and  the  cost  of  the  complete  -plant 
is  from  $15,000  to  $100,000.  Both  steam  and  electrically  driven 
dredges  are  being  used.  Some  have  revolving  cutters  or  water 
jets  to  disintegrate  the  material,  but  many  have  neither  appara- 
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tus.  This  depends  on  the  compactness  of  the  material  to  be  ex- 
cavated. In  general,  any  attempt  to  economize  in  first  cost  at 
the  expense  of  construction  or  equipment  of  the  dredge  will  be 
paid  for  dearly  in  subsequent  breakdowns  and  loss  of  time., 

Mississippi  and  Missouri  River  Dredges.,  On  these  rivers  12 
and  15-in.  dredges  are  used,  due  no  doubt  to  the  reluctance  of' the 
bontractor  to  build  an  expensive  plant  for  the  small  yardage  of 
contracts  offered. 

The  total  cost  of  a  12-in.  plant,  complete  with  pipe  line,  is  be- 
tween $15,000  and  $25,000,  depending  upon  the  class  of  machinery 
and  the  refinement  of  construction.  Between  25,000  and  50,00p 
cu.  yd.  per  month  would  be  the  probable  output,  depending  upon 
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the  length  of  the  pipe  line,  the  layout  of  the  work,  river  condi- 
tions and  the  skill  of  the  operators. 

The  dredge  with  15-in.  pump  is  built  along  the  same  lines  as  the 
■  ]  2-in.,  though  frequently  the  pump  is  directly  connected  rather 
than  belt  driven.  '  In  either  case,  the  engine  should  be  compound, 
to  save  fuel.  Between  250  and  300  hp.  is  required  for  a  plant  of 
this  size,  depending  upon  the  conditions  mentioned.  An  efficient 
engine  for  medium  power  is  a  cross-compound  of  either  the  hori- 
zontal or  marine  type.  The  boilers  should  have  about  2,500  sq.  ft. 
of  heating  surface.  If  surface  condensers  are  installed,  water- 
tube  boilers  may  be  used,  otherwise  the  Mississippi  River  type  is 
to  be  preferred.  A  donkey  boiler  should  be  provided  for  washing 
the  main  battery.  A  hoisting  engine  handles  the  suction  pipe, 
but  it  is  desirable  to  have  a  deck  capstan  with  independent  en- 
gines for  handling  the  boat. 

The  suction  pipe  is  articulated  at  the  end  of  the  dredge  either 
by  a  swivel  elbow  or  merely  "by  a  length  of  suction  hose,  and  !is 
raised  and  lowered  by  tackle  suspended  from  an  A-frame  over  the 
bow.     Its  lower  end  is  provided  with  a  suction  nozzle,  consisting 
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of  a  cone-shaped  head  with  cross  bars  to  prevent  the  entrance  of 
large  stones  and  pieces  of  wood  that  would  el6g  the  pump.  The 
hull  will  be  about  110x30x3  ft.  The  15-in.  dredge,  complete 
with' all  equipment,  will  cost  between  $25,000  and  $45,000  and  its 
'output  will  be  from  60,000  to  125,000  cu.  yd.  per  month.  To  at- 
tain the  latter  figure,  the  condition's  must  be  very  favorable  and 
the' dredge  must  be  operated  continuously  (24  hr.  a  day)  and  with 
very  few  delays.  _ 

The  maxiinu'm  monthly;  output  ofl  which  a  dredge  is  capable  is 
rarely  attained  iii  levee  work,  oli  acfcount  of  the  large  percentage 
of  time  lost  in  shifting  pipe,  and  it  is  of  great  importance  that 
experienced  men  be  emplbyed,  to  reduce  this  loss  to  a  minimum. 
As  the  shutter  pipes  have  .  to  be  shifted  ahead  as  each  section 
of  tihe  levee  is  completed,  it  is  advisable  so  to  plan  the  work  that, 
operations  can  .be  conducted  on  two  sections  simultaneously.  The 
main  discharge  pipe'  is  provided  with  a  Y-branch,  and  gate  valves 
so  that  the  filling  can  progress  on  each  section  alternately,  thus 
reducing  the  idle  time  Of  the  dredge.  If  this  is  not  possible, 
sometimes  the  Itevee  is  brought  up  to  the -full  height  but  not  to 
full  width  at  the  firdt  operation,  and  then  widened  with  the  branch 
line  while  extending  the  main  line. 

Some  contractors  use  a  discharge  pipe  of  larger  size  than  the 
pump  and  suction ;  for  instance,  an  18-in.  discharge  pipe  for  a 
15'4n.  pump.  With  15-in.  suction  pipe.  The  purpose  is  to  save 
power  by  reducing  the  velocity  Of  water  in  the  line  and  thus  the 
friction  head  pumped  against.  But  it  is  the  velocity  rather  than 
the  quantity  of  the  water  that- is  instrumental  in  keeping  in  sus- 
pension and  transporting  such  heavy  material  as  coarse  sand 
and  gravel.  Enlarging  the'  discharge  pipe  reduces  the  velocity 
and  caiises  the  sand  to  settle  until  the  cross-section  is  reduced 
and  the  velocity  thus  increased  to  a  point  where  it.  will'  again 
'carry  the  material. 
'  It  is  better  practice  to-  use  a  discharge  pipe  of  the  same  size 
as  the  pump  as  far  as  it  connects  with  the  shutter  pipe.  There 
it  may  be  enlarged,  as  it  is  desired  that  the  sand  should  settle 
so  that  it  may  be  discharged  through  the  shutters.  In  a  high- 
powered  20-in.  dredge  on  the  New  York  Barge  Canal,  diflBealty 
was  experienced  in  pumping  gravel  and  small  boulders  through 
a  long  20-in.  discharge  line,  but  upon  replacing  this' with  a  16-in. 
line  the  material  was  discharged  with  ease  and  the  output  greatly 
increased. 

'  Shields  or  slope-boards,  consisting  of  plates  of  No.  16  Steel 
about  10  ft.  long  and  18  in,  wide,  are  frequently  used  to  facilitate 
the  formation  of  the  desired  slope.  A  number  of  these  are  in- 
serted, '  end  to  end,  in  the  partly  formed   slope.     They   prevent 
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the  sand  from  flowing  downward  until  it  fills  to  the  top  of  the 
plates,  when  they  are  pulled  out  and  moved  further  up  the  slope. 

The  hydraulic  construction  of  levees  requires  considerable  skill. 
The  suction-pipe  operator  must  keep  a  steady  and  unifoi'm  flow 
of  sand  in  the  discharge  pipe,  and  the  pipe  men  must  use  judg- 
ment in  opeiring  and  closing  the  shutters  to  build  the  embank- 
ment to  the  proper  slope;  closing  some  of  them  if  the  percentage 
of  sand  in  the  pipe  decreases  and  opening  enough  of  them  to 
discharge  water  if  the  slopes  need  to  be  flattened  out.  The  hand- 
ling of  the  slope  boards  also  requires  pr'actice.  With  a  good  Re- 
liable plant,  properly  designed  to  meet  local  conditions,  some  re- 
nfarkable  results  have  been  obtained,  not  only  in  the  low  cost 
per  yard  but  in  the  character  and  appearance  of  the  fill. 

The  monthly  operating  costs  given  in  the  accompanying  table 
are  typical  for  a  15-in.  dredge  on  the  Mississippi  River: 

1  foreman t   150 

1  engineman 125 

1  enginemaa 100 

2  suction  operators,  at  |100  200 

2  oUers,    at   $60    120 

2  firemen,   at  $70    140 

~  2  coal  passers,  at  $60  120 

3  deck  hands,   at  $60   180 

1  levee   foreman    (day)    90 

1  levee  foreman   (night)    70 

10  levee  laborers,   at  $60    600 

2^         Total  labor  cost  per  month  $1,895 

Coal  (18  tons  per  day)   .; M"" 

Supplies   (rope,  oil,   packing) 150 

Repairs    and  renewals    200 

Office  and  overhead  expenses  — 200 

Insurance    (flre   and  liability)    k 100 

Interest  and  depreciation  (2%  on  $35,000)   700      ~ 

Total  operating  cost  per  month   $4,445 

This  is  for  two  12-hr.  shifts  daily.  The  wages  do  not  include 
subsistence.  Assuming  an  output  of  75,000,  yd.  p6r  month  the 
cost  is  about  6  ct.  per  yd. 

Construction  of  Levees  by  Hydraulic  Dredges.  D.  L.  Yarnell, 
in  Engineering  News,  June  11,  1914,  describes  work  on  levees  on 
the  Mississippi  River  near  Trempealeau,  Wis.,  and  in  Henderson 
County,  111.,  as  follows: 

Each  of  the  dredges  consisted  of  a  hull  24x80x4%  ft.,  upon 
which  were  mounted  a  centrifugal  pump  having  one  12-in.  suc- 
tion pipe  and  a  14-in.  discharge  pipe,  a  200-hp.  engine,  and  a 
boiler  nominally  rated  at  150  hp.  The  discharge  pipe  was  car- 
ried from  the  dredge  to  the  top  of  the  levee  by  small  towers 
mounted  on  14x40-ft.  barges.     The  power  actually  developed  by 
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the   engine   varied   with   the   length   of   the   discharge   pipe,   the 
■height  of  delivery  I  and  the  character  of  the  material  pumped. 

The  desired  slopes  were  formed  by  means  of  steel  boards  about 
18  iUi  wide  and  10  ft.  long,  of  No.  14-gage  steel  with  angle-iron 
top,  not  tooi  large  or  heavyiito  be  easily  moved  by  one  man.  The 
slope  boards  are  pladed  at '  the  intersectidn  of  the  side;_sl0|pe  with 
the  natural  slope  of :  the  end  of  the  fill  under  construction.  Sev- 
eral men  equipped' with' shovels  are  necessary  to  distribute  the 
riiaterial  evenly  and' to  move  the  slope  bbards  ahead  as  the  levee 
is  built  up.  ' 

In  the .  Trempealeau  District,  there-  wSre  two  separate  levees 
constrmeted.  The  levees  were  built  with. material  from  the  chan- 
nel excavated,  to  divert  Trempealeau  River  from  near  the  foothills 
to  Trempealeau  Bay.  The  average  width  of  the  levee  crown  is 
between  8  and  10  ft.-,  and  the  average  height  of  embankment  is 
probably  14  ft.  The  levees  have  slopes  of  1  on  3  on  the  water 
side  and  1  on  2  on  the  other, .  with  banquette  against  the  land 
side  upon  which  is  a  roadway.  The  site  for  thie  levee  was  not 
cleared  of  vegetation  and ,  stumps  were  not  grubbed  out  for  the 
reason  that  during  the  greater  part  of  the  construction  period,  the 
bed  of  the  levee  was  flooded.  It  was  assumed  that  the  method  of 
constrjiction  so  completely  sealed  the  voids .  arouijd;  the  stumps 
that  moisture  enough  will  be  retained  and  the  air  excluded  to 
prevent  decay.  The  total  earthwork  in  the  two  levees  and  divert- 
ing channel  is  approximately  500,000  cu.  ydi,  wMch  was  let  at 
a  contract  price  of  8.5  ct.  The  construction  work  \Yaa  begun  in 
May,  1912,  and  completed  in  October,  of  the  same  year  by  the  La- 
Crosse  Dredging  Co.,  two  dredges  being  used.  ' 

Part  of  the  levees  in  JSenderson  County,  111.,  drainage  districts 
Nos.  1  and  2  are  being  built  by  hydraulic  dredges.  The  levee 
of  District  No.  2  is  a  reinforcement  placed  against  thft'  west  aide 
of  the  C,  B.  &  Q.  R.  R.  (Carthage  Branch)  embankment,  carried 
about  3  ft.  higher  than  the  track.  The  easterly  slope  of  tha  new 
fill  is  1  on  1%,  and  the  slope  on  the  water  side  ia  1  on  2%. 
About  126,382  cu.  yd.  have  been  let  at  a  contract  price  of  15.9 
et.,  23,400=  yd.  at  20  ct.;  and  there  is  an  additional  5,900  yd.  for 
which  contract  has  not  yet  been  let.  On  the  District  No.  1,'two 
sections  of  the  levee  are  to  be  constructed  with  a  suction  dredge. 
The  total  length  of  these  two  sections  is  20,500  ft.;  the  embank- 
ment is  to  have  an  8 -ft.  crown  and  1  on  3  slopes  on  bothisides; 
the  contract  price  is  11.25  ct.  per  cu.  yd.  The  rest  of  the  i levee, 
incuding  probably  two  to  three  times  the  amount  Of  earfhrwork, 
with  6-ft.  crown,  1  on  3  slope  on  the  water  side  and  1  on  2  slope 
on  the  land  side,  is  to  be  constructed  with  a  dragline  excavator 
at  12.1  ct.  per  cu.-yd.     The  advertised  earthwork,  based  on  a  6-ft. 
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crown  throughout  the  entire  length  and  combined  slopes  of  1  on 
5,  was  821,400  eu.  yd.  ,  '      > 

At  the  time  of  the  inspection,  the  levee' being  built' was  about 
14  ft.  high,  and  the  top  width  was  2  to:  8  ft.  wider  than  the  8 
ft.  specifled.  The  designed  section  of  the  levee  at  that  point 
contains  practically  26  cu.  yd.  to  the  linear  foot,  and  the  con-: 
structed"' section  about  27  cu.  yd.  On' the  day  of  the  inspection, 
Aug.  23,  the  two  11-hr.  shifts  built  100  lin.  ft., of  completed  levee, 
or  2,700' cu.  yd.  were  actually  placed.  There  were  no  delays  for 
repairs,  moving  dredge,  or  any  other  reason.  On  this  work  a 
strip  about  SO  ft.  wide  in  the  base  has  beeil  grubbed  and  ploughed, 
the  entire  base  being  cleared.  The  nuinber  of  men  usually  em- 
ployed was  'about  14,  and  the  fuel  used  about  5  tons.of  ;goad  Il- 
linois coal,  in  each  shift.;  The  average  day's  work  will  be  con- 
siderably less  than  this,'  and  to  the  cost  of  labor  and  fuel  must 
be  added  that  of  delays,  repairs,  depreciation  of  plant,  prepara-i 
tion  of  site,  superintendence,  and  overhead  charges.  . 

A  20-ft^  head  with  about  600  to  800  ft.  of  discharge  pipe  is  the 
maximum  cohdition' under  which  a  plant  developing  only  200' hp. 
dan  operate;  greater  heights  and  distances  may  be  overcome  by  a 
cbrresponding  increase'  Of  power  equipment.  The  dredge  must 
always  be  in  about  8  ft.  of  water  to  prevent  air  from  being  drawn 
into  the  suction  pipe.  A  dredge  of  thisitype  costs  approximately 
$15,000,  not  including  the '  discharge  pipe,  the  barges^;  and  other 
necessary  appurtenances,  which  will  add  about  $5,000,  making  the 
total  first  cost  about  $20,000  for  a  plants  to  build  levees  by ' this, 
method.  It  would  hardly' pay  to  put  such  an  outfit  on  a  contract 
of  less  than  250,000  cu.  yd.  "  : 

Building  Eevees  in'IU.  by-  Hydraulic  Dredging.  Jean  M.  Allen, 
in  Engineering  and  Contracting,  Feb.  16,  1910,  gives  a  description 
of  the  method  of  filling  low  areas  at  'Cairo,  111.  This  work  was 
particularly  interesting  because  the  material  pumped  into  jthe  fill 
by  the  hydraulic  dredges  was  sand  which  is  not  used  for  filling 
low  places  as  often  as  is  clay  or  alluvial: mud.  Furthermore,  the 
Cairo  plant  was  unique  in  that  the  flow  of  material  through  the 
very  long  pipe  line  from  the  dredge  was  accelerated  by  the  use  pf, 
a  booster  pUmp.  ' 

The  method  used  for  building  up  the  levee  enclosing) the  dredged 
material  was  also  unique.  The  tendency  of  the  sand-  to  settle  in 
the  bottom  of  the  pipe  permitted  the  building  of  leVees  having  any 
desired  slope,  ranging  from  that  assumed  by  moist  sand  to  the 
slope  of  a  semi-fluid.  It  was  observed,  at  Cairo  that  the  gravel 
dumped  from  the  openimgs  nearest  the  pump  was  coarsest  and, 
that  thfe  material  became  finer  as  the  distance  it  was  carried, 
indreased.     The  method  used  in  hydraulic  fills  of  placing  .boards 
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as  retainers  on  the  slope  was  here  used  until  it  was  realized  that 
as  sand  was  less  inclined  than  clay  to  hold  moisture,  boards 
were  iiot  required.  The  regulation  of  the  gate'  openings  con- 
trolled the  solidity  of  the  flU.  Even  where  mud  is  used  for  fill- 
ing, sand  might  be  efficiently  employed  to  form  retaining  em- 
bankments if  obtainable  by  dredging  in  •  sufficient  quantities. 
Sand  also  settles  much  more  quickly  than  does  clay  alone  after 
being  pumped.  The  addition  of  a  Certain  amount  of.  sand,  to  clay 
embankments  formed  by  dredging  or  hydraulicking  would  cause 
a  quicker  settlement  of  the  material  and  would  likewise  improve 
the  character  of  the  fill. 

Regarded  as  a  hydraulic  filling  proposition  some  rather  un- 
usual and  difficult  problems  presented  themselves.  The  extreme 
distance  to  which  the  material  was  pumped  was  something  over 
6,500  ft.  and  the  greatest  elevation  to  be  overcome  at  extreme 
low  water  was  about  38  ft.  Extreme  low  water  was  about  5  ft. 
referred  to  zero  on  the  government  gage  at  this  point  and  the 
city  grade  was  43  ft.  referred  to  the  same  gage.  As  it  was  in- 
tended to  use  12-in.  pipe  and  as  a  velocity  of  water  of  at  least 
10  ft.  per  second  had  to  be  maintained  to  keep,  the  heavy  sand 
and  gravel  in  suspension,  a  total  friction  and  static  head  of 
about  300  ft.  had  to  be  overcoilie. 

.  There  were  very  few  data  available  on  a  plant  of  this  kind. 
Some  of  the  builders  of  standard  dredging  pumps  declared  that 
'  the  proposed  heads  were  excessive  and  declined  to  submit  bids 
on  the  equipment.  A  somewhat  similar  plant  found  working  in 
Kansas  City,  was  carefully  studied  and  much  valuable  informa- 
tion gained  therefrom. 

The  following  was  the  plant  eventually  decided  upon  and  in- 
stalled: A  floating  dredge  was  installed  in  the  Mississippi  River 
adjacent  to  the  sand  bar.  It  was  connected  to  the  bank  by  a  pile 
trestle  extending  into  the  river  a  distance  of  100  ft.  and  by  a  rigid 
pontoon  line  160  ft.  long  connecting  the  boat  with  the  trestle. 
Articulations  at'  the  connection  of  the  trestle  with  the  pontoons 
and  of  the  pontoons  with  the  bow  of  the  boat  enable  the  suction 
pipe,  located  at  the  stern  of  the  boat,  to  pump  sand  from  any 
point  in  the  interior  of  a  semicircle  whose  radius  is  380  ft. 
'  On  the  boat  was  installed  a  12-in.  centrifugal  dredging  pump  of 
a  standard  make  with  a  32-in.  runner.  This  pump  was  belted  to 
a  20x24-in.  slide  valve  engine.  Three  "Mississippi  River"  boil- 
ers, each  44  in.  in  diameter  and  22  ft.  long,  supply  steam  at  a 
pressure  of  140  lb.  To  save  time  necessary  to  construct  a  hull 
for  the  dredge  a  river  tow  boat  141  ft.  long,  26  ft.  beam  and  4^ 
ft.  dfeep  was  secured  and  the  dredging  machinery  placed  upon  it. 
The  boat's  original  boilers,  feed  pumps  and  capstans  were  utilized 
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in  the  dredging  equipment.  The  suction  pipe  passed  over  the 
stern  of  the  boat  and  was  raibed  and  lowered  by  a  small  hoisting 
engine.  In  high  water  periods  this  suction  pipe  was  about  50  ft. 
long.  I 

A  shore  pumping  plant,  or  "  booster  "  plant,  was  located  just 
inside  the  levee  at  a  distance  of  about  1,800  ft.  from  the  boat. 
The  pump  and  engine  were  duplicates  of  those  on  the  boat. 
Steam  was  furnished  by  two  standard  tubular  boilers  76  in.  in 
diameter  and  16  ft.  long.  The  discharge  pipe  from  the  boat  plant 
connects  directly  to  the  suction  of  the  shore  plant  pump.  Both 
boat  and  shore  plant  used  the  Mississippi  River  water  for  boiler 
feed  and  both  plants  ran  non-condensing. 

The  length  of  the  pipe  line  from  the  shore  plant  to  the  dis- 
charge was  about  1,300  ft.  when  the  filling  commenced  and  was 
increased  to  4,400  ft.  with  the  ;progress  of  the  work.  All  pipe 
used  except  the  suction  and  pontoon  pipe  was  12-in.  spiral  riveted 
pipe,  asphalted.  Nearly  all  the  pipe  was  No.  12  gage,  but  on  the 
end  of  the  discharge  line  Where  the  pipe  required  frequent  handlTng' 
and  lightness  was  a  prime  consideration,  some  No.  14  and  16  gage 
is  u^ed. 

.  A  private  telephone  line  connected  the  boat,  shore  plant  and  end 
of  discharge  pipe,  and  by  if  the  suction  operator  was  kept  con- 
stantly informed  as  to  the  percentage  of  solids  carried  in  the 
water  and  is  thus  enabled  to  regulate  the  supply.  The  surplus 
water  found  its  way  to  the  river  by  means  of  the  city  sewers. 

The  original  estimates  of  the  cost  were  somewhat  exceeded  and 
$42,000  was  expended  on  the  plant  before  it  was  ready  for  opera- 
tion. 

Pump  Wear.  The  plant  was  started  late  in  the  season  of  1907: 
A  number  of  difiiculties  developed  after  the  plant  had  been  in  op- 
eration a  short  time.  '  The  most  serious  was  the  rapid  wearing  of 
the  shells  of  the  dredging  pumps.  These  were  of  fcai^t  iron  and 
not  very  thick  and  it  was  found  that  every  15,000  cu.  yd.  pumped 
required  a  new  set  Of  shells  at  both  the  boat  and  the  shore  plant. 
This  extreme  wear  was  due  in  part  to  the  quality  ^of  the  material 
handled.  The  Mississippi  River  sand  is  very  coarse  and  sharp. 
The  high  speed  at  which  the  pump  had  to  be  driven  caused  the 
shells  to  cut  out  faster  than  most  sand  pumps.'  It  was  found  that, 
at  low  water  periods  and  when  pumping  to  the  most  distant  areas 
a  peripheral  speed  of  the  runner  of  about  5,500  ft.  per  minute 
.  had  to  be  maintained  to  produce  the  required  velocity  in,  the  pipe. 
Considerable  trouble  was  experienced  with  the  pump  shafts  as 
they  wore  very  fast  in  the  stuffing  boxes  and  finally  broke.  As 
the  pumps  were  of  the  side  suction  type  great  trouble  was  ex- 
perienced in  caring  for  the, end  thrust  of  the  runner. 
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'  ■  cA.  great  deal  of  time  and,  money  was  spent  in  the  endeavqit  to 
produce  a  pump  more' suitablje  for  the  work. ;  Pumps  with-  larger 
diameter  runners,  and  with,  renewable  ,  liners  in  the  shells,  Yt^re 
tried  and  at  length  a  pump  was  evolved  that  gives  very  good  sat-r 
isfaction,  .The  pumps ^nally  used  which,  were  designed  and  built 
specially  for  this  work,  were  of  the  double  suction  type,  to  obyl- 
ate  the,  end  thrust.  The  runners  were  built  up  of  steel  casting 
and  %-in.  boiler  plate  and  were  52  in.  in  dianaet^r,.  The  shaft 
was  6  in.  in  diajneter.  The  shells  were  concentric  with  the  shaft 
ajid  are, heavy  ,steel  castings.  The  inside  dimensions  were  6  ft. 
in  diameter  and  10  in,  wide.  The  metal,  in  the,  shells  , was  11^  in.; 
thick  on  the  sides  and  2  in.  thick  on  the  circumference.  These 
pumps  gave  excellent  service.  A  pair  of  them  pumped,  80,000  cu. 
yd.  of  sand,  and  it  was  estimated  that  a  j)air  of  the  steel  shells 
would  deliver  200,000  cu,  yd.  before  wearing  through, 
,  The  22-in.  belts  connecting,  the  engines  and  pumps  gave  a 
great,  deal;  of  trouble.  Rubber  and  leather  belts  were  tried,  but 
none  would  stand  the  severe  service.  At  last  a  wire  rope  drive 
was  installed  in  both  plants.  This  driye  consisted  of  the  ordi- 
nary grooved  pulleys  and  ten  parts  of  %-in.  wire  rope.  Each 
strand  of  the  wire  was  served  with  marlin  which  produced  a  very 
flexible  rope,  This  transmission  gave  excellent  service  and  caused 
no  trouble  since  its  installation.  , 

Average  Output  wnd  Cost.  The  periods  of  unusually  high  and 
low  water  experienced  the  last  two  years  proved  a  great  handicap 
to  the  work.  At^the  extreme  low  water,  which, lasted  for  two  or 
three,'months  in  the  fall  of  the  year,  the  sand  bar  was  entirely 
dry  and  the  boat  was  aground  and  could  not  be  moved  to  secure 
a  supply  of  sand.  Again  at  high  water,  which  was  sometimes  45 
ft.  above  low  water,  the  land  outside  the  levee  and  the  trestle 
work  to,  which  the  pontoons  connected  was  from  6  to  10  ft.  under 
the  water.  The  running  ice  which  filled  the  river  during  January 
and  February  was  dangerous.  These  conditions  rendered  it  neces- 
sary to  suspend  operations  for  at  least  six  months  out  of  the 
twelve.  The  plant  averaged  about  30,000  cu.  yd.  per  month  when 
running,  and,  up  to  the  beginning  of  1910  about  340,000  cu.  yd.^ 
were  jnoved. 

A  set  of  observations  of  the  working  conditions  were  taken 
December  4,  1909.  ' 

BOAT 

Engine    .; : 132  R.  P.  M.  ■ 

Pump 352  E.  P.  M. 

Indicateii  horse   power 321 

Pump  suction IB  in.  vacuum  i  • 

Pump  disoliarge    ,......, 60  lb.  pressure   ,,      .(, 

Steam  pressure,   boiler    138  lb.      i     '^"^ , 

Coal  consumption  About  1  ton  lump  per  hour       ■M'''t[ 
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_      .  SHORE  PLANT 

e^eme    - : 140  R.  p.  M. 

fi^P     •,••■ • 384  R.  P.  M 

Indicated  horse  power 385 

W^m"  A^^*'i.°'^  ■  V '■'■'•  •  "4  'li*'- ' pressure 

lt=  ,S  '^'^"'•^■•e^  /•:, :•■•• 82  lb.  pressure 

Steam  pressure,   boiler   ...; .....: 130  1b 

.    ,   .    Coal  consumptign About  0.7,1b.  screeningsper  hour 

The  velocity  of  the  water  was  not  determined  accurately,  but 
was  about  10  ft.  per  second.  Th^  percentage  Of  solids  carried 
was  also  difficult  to  determine  for  the  reason  that  a  few  hundred 
feet  away  from  the  pumps  the  sand  settled  to  the  bottom  of  the 
pipe,  and  while  from  10%  to  20%  of  the  cross  sectional  area  of 
the  pipfe  may  be  filled  with  sand,  this  sand  tra,yels  at  a  much 
slower  velocity  than  the  water.  The  average  amount  of  solids 
delivei^ed  per  hour  was  about  65  or  70  cu.  yd.  ■ 

About  16  men  were  required  on  the  day  shift  and  about  14  on 
the  night  shift.  The  weekly  pay  roll  amounted  to  about  $500. 
Ah  extract  from  the  report  of  October,  1909,  is  an  average  per- 
formance and  is  as  follows:  -  •       '         ,, 

Total  yardage  pumped 33,577.9 

Total  hours  run ,       515 

Yards  .per  hour   1...-'      '65  '  ■' ' 

I  pxppnses  —  Per  cu.  yd. 

Fuel     J0.0482 

tabor 0.0599 

Repairs     0.0082 

Oil     0 .0022 

Office  and  sundry 0.008 

Total  per  cu.' yd!  ; $0:i265 

This  statement  makes  no  allowance  for  interest,  depreciation 
lior  ihsurance. 

The 'Contract  price  on  the  above  work  was  from  24  et.  to  30 
ct.  for  the  railroad  work  and  from  28  ct.  to  44  "ct.  for  the  city 
work  —  the'  latter  payable  in  bonds. 

'  Shutter  Pipes.  A  feature  of  the  work  of  interest  was  the 
method  used  in  building  the  levees  to  confine  the  material  within 
the  desired  areas.  At  first  the  levees  were  thrown  up  of  earth  by 
means  of  slip  scrapers,  but  later  they  were  built  of  sand  directly 
from  the  pipes  by  what  are  termed  "  shutter  "  or  "slide  pipes.^' 
A  number  of  lengths  of  the  regular  discharge  pipe  were  provided 
with  openings  on  the  lower  side  about  3  x  4.  in.,  the  4-in.  dimen- 
sion being  crosswise  of  the  pipe.  These  openings  were  spaced 
about  3  ft.  apart  in  the  pipe  and  closed  by  suitable  sliding  plates 
of  No.  8  sheet  steel  which  work  in  grooved  castings  which'  bolt 
over  the  openings  in  the  pipe.  When  one  or  more  of  these  slides 
were  opened  the  sand  issuing  from  them  was  of  the  consistency  of 


1272      HANDBOOK  OF  EARTH  EXCAVATION 

mortar  and  built  up  very  steeply.  It  was  jgossible  with  a  little 
care  in  operation  to  build  up  the  sand  to  a  1  to  1  slope  on  the 
outside  of  the  iill.  If  the  slope  was  too  steep  the  slides  were 
opened  wider  and  some  water  allowed  to  escape  which  flattened 
down  the  slope  to  any  extent  desired.  The  end  of  the  discharge 
pipe  was  continued  some  distance  away  so  that  the  water  there- 
from would  not  interfere  with  the  levee  building. 
.  ,  Iij  ^making  the  levees  in  this ;  manner  advantage  was  taken  of 
the  fact  that  the  heavy  sand  in  long  pipe  lines  is  not  carried  in 
suspension  by  the  water,  but  moves  along  the  bottom  of  the  pipe, 
three  or  four  inches  deep,  and  at  a  much  slower  velocity  than  the 
water..  The  actipn  is  very  much  like  wa,ves,  there  being  alter- 
nately high  and  low  places,  the  higher  material  being  continually 
removed  and  carried  forward  to  a  depression,  This  peculiaj?  wave- 
like actipn  of  sand  transported  in  water  is  dealt  with  in  many  U. 
S.  Government  Engineer  reports  and  in  Johnson's  "  Surveying." 

Sand  Core  Levees  in  California.  In  Engineering  and  Contract- 
ing, Apr.' 29,  1914,  K.  G.  Clifford  describes  the  construction  of  a 
sand  core  levee  in  the  Sacramento  Valley,  California,  as  follows: 
,  Economical  construction  of  these  extensive  levees  necessitates 
the  use  of  the  materials  immediately  at  hand  and  these  consist 
of  a  deep  sand  in  the  river  bottom  and  stratified  sedimentary  de- 
posits of  clayey  silt  along  the  banks.  The.  average  height  of  this 
17.7  miles  of  river  levee  is  15  ft.  and  approximate  4,S00,000  cu. 
yd.  of  material  were  necessary  to  construct  a  bank  of  sufficient 
stability  to  be  absolutely  safe  under  conditions  of  maximum  flood. 

Most  of  the  recent  levee  work  has  been  done  with  large  clam- 
shell dredges  having  5  or  6  cu.  yd.  buckets,  which  pile  the  river 
sand  up  along  the  banks  after  clearing  the  timber  and  brush  from 
the  site.  These  sand  banks  are  very  slow  in  accumulating  any 
growth  and  are  thus  left  unprotected  from  scour  and  wave  wash 
unless  brush  or  tule  mats  are  provided  at  considerable  expense. 
A  heavy  growth' of  cotton  wood,  willow  and  black  oak  lines  the 
river  throughout  its  length  and  it  was  to  take  advantage  of  this 
natural  protection  to  current  and  wave  action  that  first  sug- 
gested the  use  of  a  levee  built  with  a  suction  dredge. 

The  levee  was  located  with  its  center  line  150  ft.  back  from 
the  natural  river  bank  except  where  the  distance  was  less  than 
800  ft.  to  the  existing  levees  across  the  river  when  this  minimum 
flood  plane  width  was  used. 

Retaining  dikes,  Fig.  13,  are  thrown  up  first  by  drag  line  ex- 
cavators mounted  on  trucks  having  16  wheels  running  on  two 
standard  gage  parallel  tracks.  The  booms  are  100  ft.  in  length, 
and  3%  and  4%  yd.  Bucyrus  and  Page  buckets  are  employed  ia 
the  varying  material  encountered.     These  drag  lines  backed  down 
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the  cleared  right  of  *ay,  digging  a  deep  cut-off  trench  of  suffi- 
cient size  to  furnish  material  for  the  two  retaining  dikes  on  each 
toe  of  the  finished  levee.  The  crown  of  these  dikes  was  kept  about 
6  ft.  below  the  finished  top  of  the  levee  and  was  made  5  ft.  wide 
with  a  natural  slope  of  about  i:^^  to  1.     The  total  yardage-  in- 
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Fig.  13.     Cross-Section  of  Sand  Core  Levee  Showing  Sequence  of 
Construction  Operations. 


eluded  in  this  drag  line  work  for  the  river  levee  is  1,224,400  cu. 
yd.  The  operation  of  Drag  Line  No.  2,  which  did  60%  of  the  work, 
is  given  in  Table  I. 

The  cost  of  excavating  this  743,056  cu.  yd.i  of  core  trench  ma- 
terial and  placing  it  in  the  two  dikes  is  divided  as  follows: 

Labor   of   operation    • $24,013 

Fuel,   8,645  bbl.   oil   8,645 

Superintendence  and  engineering- 2,800 

Moving  and  erection  at  beginning 2,400 

Eepairs 11,908 

Total :....... $49,798 

20%  annual  depreciation  on  $28,717  wortli  of  equipment       5,743 

Grand  total    (12  mo.)    -^ $55,541 

Cost  per   cu.  yd $0,075 

The  efficiency  of  operation  increased  very  materially'  after  the 
crews  became  trained  to  handle  this  particular  character  of  con- 
struction. 

TABLE    I.— OPERATION   OF   DEA:gLINE   EXCAVATOR    (12   MOS.) 

Operating,   hr • 6,884 

Digging,    hr 5,507 

Per  cent,  of  time  digging  . .- „,„  „f" 

Yardage  moved   743,066 

Cu.  yd.  per  hr.  digging 135 

Cu.  yd.  per  bbl.  fuel  oil  87 

Cu.  yd.  per  lin-  ft.  .y 13 

"the  best  month's   work  was  in  Jan.,   1913,  when   126jl28  cu. 
ya,  W?re  excavate4  in  744  operating  hr.  or  627  digging  hr. 
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The  dredge  had  a  hliU  150x35x9  f^.^in  size,  and  a  20-in>, 
pump  driven  ;by.  a  650-hp.  triple  expansion  steam  engine.  Cru,de 
oil  costing:  85  ct.  per  bbl.  was  used  for  fuel.  Xhe/limits  of, dig; 
ging  were  7  ft.  minimum,  and  36  ft.  maximum,  although  the, 
average  was  18  to  32  ft.;  The  lift  was  from  20  to  30  ;ft.,  with 
1,400  ft.  average  length  of  pipe  used.  The  crew  consisted  of  3 
levermen,  3  enginemen,  2  firemen,  2  deck  hands,  all  on  the  dredge, 
beside  a  shore  gang  of  34  men  total  for  the  two  12-hr.  shifts.  The 
levermen  worked  6  hr.  on  and  12  hr.  off,  making  an  average  of  8 
hr.  per  day. 

The  dredge  worked  downstream  so  as  not  to  require  outside,  mo- 
tive power  for  moving.  The  pipe  was  extended  across  the  space 
between  the  river  and  levee  center,  and  the  distributing  "  pocket 
pipe "  was  supported  on  bents  for  an  average  distance  of  700 
ft.  on  a  slight  down  grade  along  the  center  of  the  levee.  Tem- 
porary wooden  baffles  kept  the  stream  at  the  discharge  end  to- 
ward the  center  of  the  levee  to  prevent  washing  of  the  side  dikes. 
The  pockets  are  merely  openings  in  the  bottom  of  the  pipe,  opened 
or  closed  as  desired  by  means  of  simple  sliding  gates  operated  by 
the  attendant.  The  sand  drains  itself  readily  and  builds  up,  on 
sjopeaof  from  1  on  10,  to  1  on  4,  depending  on  the  fineness  of  the 
sand  and  the  amount  of  silt  present.  The  operation  of  tlie  suc- 
tion dredge  for  the  2,053,509  cu.  yd.  handled  ta  date  is  given  in 
Table  ll.  ,         ,     :    i  . 

The  cost  of  placing  this  2,053,509  cu.  yd.  of  sand  core  is  di- 
vided as  foUoivs: 

Labor  of -op&Fatioii $53,054 

Fuel,  20,436' lb.  20,436; 

Superintendence  and  engineering   7,117 

Repairs     , 27,727 

Total    '. $108,334 

20%  yearly  depreciation  on  $105,300,  cost  of  outfit 28,100 

Grand  total  (16  mo.)   $136,434 

.CoBti  per ,  911.  yd. , $0,067 

Since  there  were  13  cu.'  yd.  per  lineal  ft.  of  drag  line  work 
against  35  cu.  yd.  of  suction  dredge  work,  the  average  cost  of  each 
cubip  yard  of  levee  untrimmed  wo,uld  be  $p.p7,  including  the  as- 
sumed 20%  depreciation  charge  on  equipment.  This  cost  in- 
cluded the  plowing  of  furrows  parallel  to  the  core  trench  under- 
neath the  side  dikes  to  further  prevent  percolation  between  the 
original  ground  surface  and  the  levee. 

To  compare  with  a  levee  built  by  a  clam  shell  dredge,  the  side 
slopes  being  the  same  but  with  no  core  trench  excavated,  the  cost 
of  the  13;' cu.  yd.  of  dragline. work  would  have  to  be  added  to  the 
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cost  of  the  suction  dredge  yardage  and  the  unit  price  would  be 
$0,094  instead  of  $0.07. 

The  justification'  for  this  additional  expenditure  is  found  iri  the 
efficacy  of  the  earth  blanket  on  the  levee  for  furnishing  a  ready 
fo'othold  for  shrub  and  grass  growth  and  the  advantage  of  the 
core  trench  in  breaking  up  the  line  of  percolation  and  doing  away 
with  danger  of  the  levee  sliding  on  its  base.  It  is  also  evident 
tlhat  to  take  advantage  of  the  .protection  afforded  by  the  natural 
growth  along  the  river  it  was  necessary  to  use  the  hydraulic 
fill  type  of  levee,  which  in  turn  necessitated  the  use  of  the  dikes. 
The  presence  of  the  Sknd-  in  the' core  is  the  only  certain  way  of 
preventing  damgierous  burrowing  by  gophers  and  other  small  ani- 
'inals.  '•■-■'■':■■•  •       ,.'. 

In  addition  to  the  above  levee  cost  there  is  a  charge  for  pulling 
up  the  sediment  in  the  dikes  so  as  to  cover  the  levee  faces,  as 
shown  in  Fig.  13.  This  covering  sods  readily  and  is  soon  com- 
paratively water  tight,  while  the  growth  starting  on  it  without 
delay  aids  greatly  against  wave  wash.  Little  of  this  trimming 
has  yet'  been  done,  but  so  far  has  cost'  about  $3,000  per  mile,  or 
about  $0,012  per  cu.  yd.  of  material  in  the  levee,  the  ,work 
being  done  by  teams;  Since  a  road  24  ft.  wide  was  to  be  built  on 
the  top  of  this  levee,  most  of  this  trimming  cost  would  apply  to 
any  form  of  levee  constructed. 

TABLE  II.— OPERATION  OF  HYDRAULIC  DREDGE   (10  MO.) 

Operating,    hr.  ' '. •  10,730 

Pumping   ^ime,   hr. '. 6,362 

Per  cent,  of  time  pumping  59 

Yardage  moved    2,053,609 

Ou.yd.  per  hr.  pumping,. 323 

Cu.  yd.  per  lin.  ft 35 

Gti.  yd.  Ter  bbl.  fuel  oil 100 

,  :ftibliography.  "Relief  from  Floods,"  John  W._  Alvord  and 
Charles  B.  Burdick ;  "  The  Improvement  of  Eivers,"  B,  ¥.  Thomas 
apd  P,  A.  Watt,,;         ,  ,  .    .  ,  . 

"Standard  Levee  Sections,"  H.St.,  L.  ,Coppe6,  rrows.  4«i,  Sop. 
C.  E.,Yol.  39,  1898.  ;     ,  , 


CHAPTER  XXII 
SLIPS  AND  SLIDES 

General  Discussion.  An  .English  author,  John  Newman,  has 
written  a  book  on  the  subject  of  "  Earthwork ,  Slips  a:nd  Subsi- 
dences Upon  Public  Works."  He  cites  some, fifty  "causes"  for 
slides  in  cuts  and  embankments,  but  nearly  all  of  them  are  merely 
varieties  of  one  cause,  namely  the  saturation  of  earth  with  water. 

The  term  "  slip "  is  perhaps  preferably  applied  to  relatively 
small  movements  of  .earth;  and  the  term  "slide,"  to  relatively 
large  movements;  such  as  "  land  slides." 

Increasing  the  unit  pressure  on  earth  often  increases  the  coef- 
ficient of  friction.  ,  Whether  this  is  universally  true,  is  yet  to  be 
shown.  But  if  it  is  universal,  increasing  the  load  on  earth  will 
increase  the  angle  of  repose.  More  tests  on, the  coefficient  of 
friction  of  different  earths  trader  varying  unit  pressures  are 
badly  needed. ,  Lubricating!  earth,  with  water  decreases  the  coef- 
ficient of  friction  and  reduces  the  angle  of  repose.  ■ 

The  jarring  of  passing  trains  reduces  the  coefficient  of  sliding 
friction  of  earth  upon  earth  and  is  the  cause  of  some  slips. 

High  embankments  built  upon  side  hills  in  a  clayey  country 
often  cause  extensive  slides  of  the  underlying  earth,  and  settle- 
'  ments  of  the  embankment.  Where  experience  has  shown  that 
such  slides  are  to  be  expected,  tile  drains  may  be  used  to  advan- 
tage in  the  site  of  the  proposed  embankment. 

Often  there  is  no  way  of  predicting  a  slide,  and  when  it  begins 
it  is  too  late  to.  do  any  draining  of  the  subsoil.  The  fill  has  then 
to  be  carried  up  until  the  slipping  stops  of  its  ovim  accord.  An 
engineer  may  find  upon  examination  that  the  real  source  of 
trouble  lies  in  the  damming  back  of  water  by  the  new  embank- 
ment, which  water  by  soaking  into  the  subsoil  so  reduces  the  co- 
__efficient  of  sliding  friction  as  to  cause  the  slip.  -  In  that  case  the 
remedy  is  obviously  drainage  ditches  along  the  upper  toe  of  the 
embankment,  leading  to  a  culvert. 

It  would  be  a  waste  of  words  to  attempt  to  outline  all  pos- 
sible methods  of  getting  rid  of  water.  In  many  cases  it  is  im- 
possible, with  reasonable  expense,  or  even  with '  unreasonable  ex- 
pense, to  get '  rid  of  the  water  that  saturates  and  lubricates  the 
subsoil. 

If  embankments  are  to  be  built  upon  soft  swampy  muck,  'a 
compression  of  that  muck  is  inevitable.  The  engineer  should 
endeavor  to  secure  a  uniform  distribution  of  the  earth  load  so  as 
to  secure  uniform  settlement.  This  uniform  loading  he  should 
have  during  construction  as  well  as  afterward.  That  is  he  should 
build  the  embankment  up  in  horizontal  layers  —  not  by  end  dump- 
ing—  if  he  can;   for  a  concentrated  load  will  simply  push  the 
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muck  out  from  under  the  load  and  not  compress  it.  If  it  is  im- 
practicable to  build  up  in  uniform  layers,  then  it  may  pay  to 
build  a  log  or  brush  mattress  upon  which  to  dump  the  earth. 
The  author  has  read  very  many  accounts  of  the  building  of  such 
mattresses  written  by  those  who  seemed  to  think  that  in  some 
way  the  mattress  served  to  buoy  up  or  float  the  finished  embank- 
ment. As  a  matter  of  fact  these  mattresses  ordinarily  serve  but 
one  useful  purpose.  They  secure  an  even  distribution  of  the  earth 
load  during  the  construction  of  the  embankment,  and  so  prevent 
the  soft  muck  from  being  pushed  out  from  beneath  the  embank- 
ment. In  very  bad  cases  a  close  line  of  sheet  piling  along  each 
toe  of  a  proposed  embankment  may  be  used  instead  of  the  mat- 
tress, for  it  must  be  remembered  that  the  lateral  escape  of  the 
subsoil  muck  is  what  is  to  be  prevented  if  possible. 

It  is  obvious  from  the  preceding  discussion  that  in  builfiing  an 
embankment  the  engineer  should  avoid  dumping  a  mass  of  marl 
or  soft  clay  in  such  a  way  that  subsequent  water  saturation  of  it 
will  cause  a  slip.  Many  marls  sCie  wholly  unfit  to  form  an  em- 
bankment, and  if  a  pocket  of  such  ^arl  is  encountered  in  exca- 
vation it  should  be  wasted. 

Clay,  as  is  well  known,  shrinks  some  5%  when  thoroughly  sun 
dried,  thus  opening  cracks  or  crevices  through  which  water  may 
gain  access  to  the  material  below.  A  sod  covering  or  a  foot  or  so 
of  sand  covering  oygr  clay  that  becomes  treacherous  in  this  way 
will  keep  it  from  drying  out. 

The  Cause  and  Cure  of  Slides.  George  L.  Dillman  in  a  dis- 
cussion of  a  paper  by  D.  D.  Clarke,  Trans.  Am.  Soc.  C.  E.,  sDec, 
1918,  gives  the  following: 

Water  lubricates  and  lessens  friction.  Water  accumulates  a 
head,  and  forces  itself  into  and  through  otherwise  impermeable 
material,  thus  extending  the  lubrication;  but  the  greatest  effect 
of  water  is  from  its  pressure.  It  acts  like  millions  of  jack- 
screws,  under  and  back  of  the  slide,  to  produce  motion.  The  film 
of  water  back  of  and  under  the  slide  has  only  to  be  thick  enough 
to  be  continuous  in  order  to  transmit  the  pressure  of  its  whole 
head  in  this  manner.  ' 

We  have  articles  on  the  pressure  of  water  under  dams.  A 
slide  is  a  dam,  in  all  essential  features,  imtil  motion  begins. 
Then,  fortunately,  the  continuity  of  the  water  film  is  broken. 
At  the  instant  the  continuity  is  sufficiently  broken,  motion  ceasesj 
Then,  if  conditions  are  right,  the  inflow  of  water  increases  the 
continuity  of  the  film,  flows  into  the  cracks,  and  motion  again 
begins. 

A  slide  is  frequently  a  number  of  dams,  according  to  different 
planes  of  motion,  any  one  of  which  may  move.     It  matters  not 
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how  saturated  is  the  maBS  above  the  bottom  of  the  slide,  tjw 
analysis  of  bottom  pressures  and  effects  is  aot  changed  thereby. 
Although  slides  of  some  extent  offer  at  first  varying  evidence, 
crumpling  at  the  toe,  upheaval ;  in  i  places,  subsidence  at  the  head, 
and  lateral  motion  in  varying  degrees^  i  they  i  can  all-be  tr^e^r,  to 
one  phenomenon  by  proper  analysis^  There  -IS'  frequently  a 
swampy  place  at  the  head,  sometimes  attaining  the  dignity,  of  a 
lake.  There  are  usually  springsii  at  the  toe, ,.  frequently  ^Jso 
along  its-  trace  on  the  surface.  These  may  develop  by,  erosion 
into 'gulches  which  hide  the  cra,ekB,  the  crumpling,,  and  other  ev- 
idences of  motion.  >      ;       ■ 

There  is  no  need  to  enlarge  on  the  cause  of  slides.  Eyer,y  fact 
in  evidence  can  be  traced  directly  to  water,  principally  tb  its 
pressure.  .,.,.., 

SomStimes,  •■  the  surface  can  be  drained  sufficiently  to  effect  a 
cure.  Surface  drainage  will  always  help;  but  surface  drainage  is 
often  difficult,  especially  after  motion  has  developed  a  cracked 
wart-like  surfacejas  this  tends^  hold  rainfall  and  guide  it  to  the 
-surface  of  motion,  or  several  surfaces  of  motion. 

Sub-drainage,  which  will  kill  the  water  pressure,  is  infallible. 
'There  never  has  been  a  slide  that  could  not  be  cured- ;in  this  way. 
There  are  oases  where  the  expense  is  not  warranted.  There  are 
cases  where  the  whole' slide  can  be  sluiced  away.  There  are 
also  cases  where  the  motion  is  so  slow,  or  its  effect  so  small,  that 
the  removal  of  the  material  as  it  comes,  or  not-  removing -it  at  all, 
is' the  best' answer.     Incidentally,  removal  is  drainage.^      ; 

Slibsidence  at  the  head  of  the  slide  tends  to  the  formation  of 
swamps  and  lakes,  which,  in  turn;  supply  the  water  to  fill  the 
cracks,  to  form  the  pressure,  to  produce  motion,  to  make  more 
Subsidence,  and  so  on  in  a  never-ending  cycle.  The /intexruption 
of ,  this  cycle  is  most  certainly  accomplished  by  killing  th^  head 
of  water  acting  on  the  surface  of  motion.  Draining  the  swamps 
and  lakes,  will  help.  At  Panama  one  enthusiast  proposed  con- 
creting the  whole  surface  of  the  slide  to  prevent  the  ingress  , of 
water.  This  might  .do,  if  there  were  not  probably  some  subter- 
ranean supply  of  water,  possibly  with  a  great  head,  that  would 
'liot.  keep  out.'  Such  construction  might  be  an  actual  hindrance, 
iastead  of  a  help,  and  might  serve  to  hold  the  water  and  increase, 
instead  of  decrease,  the  head. 

In  some  cases  increasing  the  resistance  to  motion  has  been 
tried,  by  masonry  and  wooden  bulkheads.  These  have  been  ef- 
fective where  it  only 'needed  another  "straw,"  but  have  gen- 
erally been  disastrous.  Drainage  by  perforating  the  bulkhead 
is  taught  as  a  rudiment  in  retaining  walls; 

Far   apart  'as   they   may   seem,   there   is   much    sijnilarity  :Jp 
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Blides,  retaining  walls,  and  dams.  The  analysis  is  nearly  identi- 
cal, gravity,  friction,  and  hydrostatic;  pressure.  Sub-drainage 
will  cure  .the .  slide,  is  .necessary;  to  ;the  stability  of  the  wall 
and  increases  the  safety i  of  the  dam.    .„,;,. 

[In  the  author's  opinion,  Mr.  Dillman  is  wrong  in  attributing 
slides    mainly    to   water    pressure.  _  Water    in    clayey    earth    dp.  - 
creases    the   coefficient  i of    friction,    so   that    sliding   may    occur 
without  any  change  in  pressure.]  •    ,     , 

A  landslide  at  Mount  Vernon.  N.  H.  Darton,  in  Engineering 
'News,  Feb.  25,  1915,  gives  the  following:  Mount  .Vernon  is 
situated  on  a  bluff  about  100  ft.  high,  fronting  on  the  Potomac 
River.. .  In  Washington's  time  extensive  land  slides  pecurred 
on  the  front  of  the  bluff,  and  a  few  years  ago  eyidence  was  dis- 
covered that  another  slide .  was  beginning.  The ,  movement  viras 
extending  so  far  as  to  threaten  the  broad  lawn -in  front  of  the 
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Fig.   1.     Section  •'Through  Mount  Vernon  Bluff 

mansion  itself.  A  small  drainage  tunnel  was  started  in  the 
bottom  of  the  sandstone  stratum  and  was  driven  back  from  the 
river 'front  a"  distance  of  '  some  200  ft.  From  this'  drainage 
tunnel  a  considerable  flow  of  water  at  once  started  and  con- 
tinued for  several  months.  At  the  end  of  that '  time  the  flow 
gradually  diminished  and  now  remains  of  moderate  amount  but 
practically  constant.  The  draining  of  'the  overlying  'strata  has 
apparently  been  so  thorough  that 'they  ate  now  able  to  sustaiii 
the  'load  upon  them  without  fiirther  moveinent.  A- masonry, 
wall  along  the  river 'at  the  water's  edge  prevents  further  under" 
cutting  by  the  waves:  ' 

An  Extensive  Earth  Slip  near  Hudson,  N.  Y.  Engineering 
News,  Aug.  12,  1915,  gives  the  following:  '  The  slip  affected 
an  area  of  l5 '  acres  belonging  to  the  Knickeifbocker  Portland 
Cement  Co.,  pn  Claverack  Creek.  The  first  visible  incident  in 
the  disturbance  was  the  movement  of  a  section  of  earth  50  ft. 
wide   by  at   least   30  ft.   deep   arid   200   ft.   long,   about  200   ft. 
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southeast  of  the  power  house,  and  this  section  toppled  over 
into  the  creek  flowing  120  ft.  east  of  the  power  house.  This 
slide  was  followed  immediately  by  others  m  ever-lengthening 
arcs,  until  a  huge  storage  pile  of  crushed  traprock  was  under- 
mined. The  pile  then  sank  20  to  25  ft.  over  its  area  (160  ft. 
in  diameter).  This  sinking  caused  the  settlement  and  destruc: 
tion  of  the  coal  trestle  and  power  house,  in  the  order  men- 
tioned. 

The  disturbance  extends  over  15  acres  of  ground.  The  creek 
was  pushed  from  40  to  200  ft.  out  of  its  original  course  and  its 
channel  was  dammed  so  that  a  new  channel  had  to  be  blasted 
almost  immediately  to  prevent  the  flooding  of  the  plant.  The 
water  in  the  Claverack  is  from  6  to  8  ft.  in  depth.  The  entire 
earth  movement  was  over  in  2%,  min.  The  total  damage  will 
probably  reach  $250,000. 

The  buildings  of  the  company  were  on  flat  footings  with  no 
piling.  The  soil  is  the  blue  clay  common  to  the  Hudson  Valley. 
The  general  slope  is  toward  Claverack  Creek  (30  ft.  wide) 
which  bounds  the  company's  property  on  the  east,  the  water 
level  being  about  15  ft.  below  that  of  the  property.  The  slope 
is  about  1  on  2.  . 

The  nature  of  the  slippage  indicates  that  water  seeping  through 
cracks  at  the  foot  of  the  bank  caused  a  section  of  the  bank  to 
cave  in,  and  this  started  a  succession  of  similar  movements,  each 
farther  away  from  the  creek  than  its  predecessor.  Whether  a 
lateral  flowing  of  the  clay  subsoil  under  the  heavy  sup@din- 
cumbent  load  had  anything  to  do  with  the  caving  cannot  be  de- 
termined. 

Land  Slides  at  Bulls  Bridge  Hydro-electric  Plant.  Charles 
R.  Harte,  in  Engineering  Record,  May  27,  1916,  gives  the  fol- 
lowing: Water  passing  through  the  power  house  i^  carried 
through  a  long  canal  from  the  reservoir  to  the  forebay;  This 
canal  follows  a  hillside,  the  easterly  side  in  cut  and  the  west- 
erly side  in  fill.  Slides  developed  in  the  hill  side  that  threat- 
ened to  fill  and  destroy  the  canal.  In  1907  an  area  about  100 
ft.  wide,  extending  200  ft.  up  the  hill,  pulled  forward  several 
feet  in  as  many  hours,  opening,  at  the  top,  a  crack  3  or  4  in. 
wide,  while  the  surface  dropped  nearly  a  foot. 

The  entire  affected  area  showed  cracks  parallel  to  the  canal, 
far  apart  at  the  top  but  closer  together  toward  the  lower  end, 
where  the  ground  looked  like  a  plowed  field,  and  was  2  or  3  ft. 
above  its  original  level.  At  the  face  the  top  overhvmg  the  base, 
and  continually  dropped  down  masses  of  a  cubic  yard  or  so. 
Under  the  direction  of  E.  H.  McHenry,  then  engineering  vice- 
president   of   the   properties,    the   slide   was    attacked   from   the 
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front.  The  material,  a  hardpan  with  streaks  of  greasy  clay  of 
various  colors,  was  so  saturated  that  when  touched  it  "  melted  " 
and  flowed,  but  in  a  very  short  time  the  face  was  sufficiently 
drained  to  act  as  an  abutment.  The  ditches  were  then  pushed 
to  the  end  of  the  movement,  which  had  apparently  extended 
10  or  12  ft.  below  the  surface,  and  no  further  trouble  was  ex- 
perienced. 

Four  years  later  an  area  of  7  acres  immediately  south  of  the 
first  slide  dropped  about  4  ft.  vertically,  and  moved  forward,  open- 
ing up  a  main  crack  about  a  foot  wide  and  30  ft.  dieep  at  the 
upper  edge,  300  ft.  froin  the  canal.  A  series  of  smaller  cracks 
appeared  between,  while  the  base,  some  20  to  40  ft.  high  at  the 
point,  became  saturated,  bulged  outward  and  dropped  consid- 
erable material  on  the  berm,  which  was  between  it  and  the 
water. 

Following  the  same  general,  plan  as  in  the  case  of  the  first 
slide,  the  face  was  "  bled  "  by-  a  series  of  ditches  driven  into  it, 
a  cut-off  ditch  was  dug  outsid.e  the  limits  of  the  movemertb  to 
trap  off  all  surface  water,  and,  at  the  point  of  maximum  dis- 
turbance, an  exploration  shaft  was  sunk  some  25  ft.,  where  a 
sliding  plane  of  3  ft.  of  clay  was  found.  On  this  a  drift  was 
pushed  25  ft.  up  the  hill  to  rock  and  100  ft.  down  the  hill  to 
the  base  of  the  canal  bank. 

A  second  drift  was  started  at  the  bank  face,  100  ft.  north 
of  the  first,  and  a  little  above  the  canal  level.  This  was  driven 
in  a  northwesterly  direction  80  ft.  to  the  rock^  and  had  a  rising 
grade  from  the  bank  of  about  2%.  Thirty  feet  from'  the  mouth 
a  lateral  was  run  nearly  to  the  exploration  shaft,  and  from 
near  the  end  of  the  main  drift  another  lateral  was  run  north- 
westerly 240  ft.,  with  two  short  branches  eastward  to  rock. 

Comparatively  little  water  was  intercepted,  but  the  behavior 
of  the  slide  indicated  that  the  small  quantity  found  was  the 
cause  of  the  trouble.  Apparently  it  had  accumulated  along  the 
rock  until  the  head  was  suflScient  to  start  the  mass,  but  this 
movement  largely  increased  the  size  of  the  cavity,  and  some 
little  time  elapsed  before  the  head  was  again  sufficient  to  cause 
a  succession  of  moves. 

The  drifts  were  timbered  with  local  chestnut, '  at  least  8  in. 
in  diameter  for  the  sets,  and  3-in.  plank  for  the  sides  and,  roof. 
A  bulkhead  was  maintained  at  the  face  throughout,  and  fre- 
quently the  work  was  stopped  for  a  day  or  so  to  drain  off  an 
unusually  wet  section.  The  advances  were  made  by  driving. the 
roof  and  the  top  side  plank,  removing  the  top  board  of  the  bulk- 
head, excavating  to  the  ends  of  the  roof  and  side  boards  just 
driven,  and  setting  the  top  of  the  next  bulkhead. 
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It  was  expected  that  the  drifts ,  would  haV|e  to  explore  the  en- 
tire line  of]  the  break, ,  and  fu^^''^  developinents  may  necessitate 
such  a  course,  but  so  far  it, would,  .appear  that,  the  work  already 
done  has;^been  entirely  successful  in  ajiqhoring  the  area,  although 
less  than  half  has  been  explored.  There ,  is  evidently  a  series  of 
planes  of  sliding,  but,  between  the  sur;£ace  4Tains,_and  the  drifts, 
enough  water  has  been  intercepted  to  protect  the  planes  below. 
,  Preventing  Slides  on  the  Chicago  Canal,  I^  a  rejport  of  the 
engineers  of  the  Chicago  Di]ainage  District,  quoted  in,  Engineer', 
ing  and  Contracting,  May  27,  1914,  slides  developing  on  the  side^ 
of  the  Caluniet-Sag  Channel  are.  discussed.  ,  ,  > 
Three  types  of  sliding  ground  have  been  encountered,  as  fol- 


Fig.  2.     Slope  Paving,  North  Shore  Channel,  Chicago  Draimige, 
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lows :  ( 1 )  Struqtural  breaks  resulting  from  inability  of  a  layer 
of  drift  to, hold,  the  weight  of  the  overhead,  bank,  j(2)  Normal 
or  gravity  slides.     ( 3 ) !  Surface  erosioji. 

Structural  breaks  occur,  at  poijits  where  a  layer  of  shale  upon 
exposure  to.  the  atmosphere  disintegrates  and,  crumbles.  A  crack 
or,  fissure,  then  deyel^ops  in  1;hp  bank, ,  sometimes  at  a  distance  of 
200  to  300  ft.  from  t)ie  channel  ceijter  line  anfi.this  crack  gfadur^ 
ally  widens  and  deepens  as  the  bank  moves  slowly  into  the  chan- 
nel. ,  Instead  of  a  layer  of  shale,  the  prime  cause  rnay  be  a  peat 
stratum,, or  it  may  be  a  soft,  silty  or  unstable  clay. 
,  The  normal  or  gravity  slid?,  results  from  the  movement  of  the 
overhead  bank  upon  a, slippery  layer  of  clay  or  other  materiall,  the 
line  of  strMifi,cation,,of,vi;hich  is  clearly  define'd.  It  is  due  almost 
entirely,  to  an, excavated, slope  stepper  tihan  thg  angle  of, repose"  of 
^hei;particular,  formation  then  being  excavated,  and  in  many  cases 
has  been  further  aggravated  , by,  the  superimposing  on  the  berni 
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heavy  spoil  banks  at  a  comparatively  small  distance  from'  ■  the 
slope.  1  . 

Surface  ei'osion  is  a  gi'adual  sloughing  of 'the' surface  of  the 
slopes  due  to  the  weathering  action  of  th&  elemeiits.  In  addition 
to  rain  and'  wave  action,  the  action  of' frost  is'  a  contributing 
cause  of  slides  of  this  character.  The  freezing  and  thawing  of 
the  bank  tends  further  to  aggravate  the  sloughing  of  the  sur- 
face of  the  slopes,  so  that  the  sowing  of  shallow  rooted  grasses 
and  like  vegetation  is  not  in  all  cases  a  sufficient'  preventive 
means.  '  ' 


Fig.   3.     Slope  Paving   C9,lumet  iSag   Branch   Chicago  Drainage 

i"'j'  ■   ,  ■      .  ■    '     I  .  Canal.,  , 

'Eip-rapi  on,  a  12-in.  layer  of  crushed  stone  or,  gravel  is  used 
with  success  to  prevent  surface  erosion  and  even  slides  but  at 
times  has  to  be  held  in  place  with  piles.  Where  riprrap  paving 
can  be  placed, before  water  is  turned  into  tihe  channel  it  is  better 
to  carry  the  slope, paving  to  a  solid  foundation. 

The  Great  Slides  at  Panama  Canal,  According  to.  General 
Goethals  these  slides  were  of  two  kinds.  One  is  the  ship-l^^unch- 
ing  type,  where  a  natural  slip-plane  e^dsts,  on  which  the  super- 
incumbent mass  begins  to  slide  under  critical  conditions  of  lu- 
brication. This  is  slow  moving  and  may  be  very  large  and ,  exert 
enormous  pressure  down  hill.  The  Cucaracha,  slide  was  ipf  this 
fype.  :  The,  other  class  of  slip  is. the  plastic  flow.lsind,  where  a 

-clay-like,  soil  .beopmes  suddenly  plastic  or  semi-liquid  under,  cer- 
tain conditions  of  moisture  and  pressure.  Thet  Culebra  slides 
were  of  the  plasitio  flow  type. 

,  The  magnitude  of  the  slides  at  Pana,ma  precluded ;  the  possi- 
bility of  stopping  them  with  piles.  Drainage  would  have  been 
very  costly,  and,  due  to.  the  excessive  rain  fall,  possibly  not  effec- 
tive. Nothing  could  be  done,  but  remove  the  sliding  material  as 
it  reached  the  canal  prism.  This  has .  been  done,  and  now  that 
all  the  sliding,  ground  has  been  removed  the  remaining  b^nks 
appear  to  be  stable.    The  volume  of  thesie  slides  was  enormous 

■having!  reached  about  50,OQO,000,  cu.  yd.  by  Dec.  30,  1915^,    These 
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unexpected  slides  added  greatly  ,to  the  estimated  cost  of  the 
canal. 

A  Kemarkable  Landslide  at  Portland,  Oregon.  D.  D.  Clarke, 
in  two  papers  befoije  the  Am,  Soc.  C;  E.,  ITrows.'  J-rn.  Soc.  C.  E., 
Vols.  LIII  and  LXXXII,   discusses   the  treatment  of  this   slide. 

During  1894  two  small  reservoirs  were  constructed  for  the 
city  of  Portland.  During  their  construction  a  slight  movement 
of  adjacent  land  was  noticed.  This  movement  increased  in  size 
«i  as  to  affect  the  reservoirs  as  soon  as  they  were  first  filled.  The 
reservoirs  were  immediately  emptied  and  were  out  of  use  for  ten 
years. 

Small  shafts  (22)  and  wash  borings  (33)  were  used  to  study 
the  movement  of  the  slide  for  a  period  of  years.  The  dimen- 
sions of  the  moving  ground  were  at  length  determined  to  be  ap- 
proximately 1,700  ft.  from  east  to  west,  and  1,100  ft.  from  north 
to  south  along  the  reservoir  front —  an  area  of  approximately 
2914  acres  —  the  depth  ranging  from  46  to  112  ft.,  the  average 
being  77.8  ft.  The  approximate  volume  was  3,400,000  cu.  yd., 
and  the  approximate  weight  4,600,000  tons.  ; 

The  borings  and  open  shafts '  revealed  the  presence  of  a  thin 
seam  of  blaie  clay  along  the  surface  of  the  bed-rock,  with  nu- 
merous water  pockets  in  immediate  connection  therewith,  several 
of  the  underground  water  pockets  having  considerable  volume. 
Two  of  the  largest  of  these  water  pockets  were  drained  with 
pumps  (the  total  pumpage  aggregating  several  million  gallons) 
with  a  marked  deterrent  effect  on  the  movement  of  the  slide,  as 
indiicated  by  the  periodical  instrumental  surveys. 

Comparisons  of  Weather  Bureau  records  of  precipitation  with 
the  monthly  movement  of  the  slide  indicated  a  close  relationship 
between  the  two  —  if  it  did  not  offer  absolute  proof  that  the' rate 
of  movement  of  the  slide  depended  on  the  volume  of  the  rain- 
fall during  any  series  of  months. 

After  a  study  of  all  the  observed  conditions  it  became  evident 
that  the  required  remedy  was  drainage.  Accordingly- a  total  of 
2,507  lin.  ft.  of  drainage  tunnels,  with  timber  supports,  was  con- 
structed between  June,  1900,  and  December,  1901,  at  a  total  cost 
of  $14,161,  or  an  average  cost  of  $5.65  per  lin.  ft.  for  materials 
and  labor. 

The  results  secured  by  the  construction  of  these  drains  were 
considered  very  satisfactory,  and  for  a  time  it  appeared  as  if  the 
slide  problem  had  been  fully  solved. 

The  volume  of  drainage  from  the  tunnels  was  carefully  observed 
for  the  2  years  fbllbwing'  their  completion,  and  was  found  to  range 
from  10,000  to  15,000  gal.  per  day  in  summer,  and  from  25,000 
to  75,000  gal.  per  day  in  winter;  and  at  the  end  of  2  years  it  was 
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decided  that  the  drains  were  doing  effective  work  and  that  it 
would  be  safe  to  proceed  at  once  with  the  work  of  reservoir  re- 
pairs. ., 

During  March,  1904,  immediately  following  the  adoption  of  a 
plan  for  tunnel  and  reservoir  repairs,  it  was  noted  that  there  had 
been  an  accelerated  movement  of  the  slide.  There  had  been  un- 
usual rainfall  during  the  pj-eceding  4  months,  amounting  to  27  %r 
more  than  the  average  ioi  the  same  period  during  the  past  21 
years.  To  remedy  this,  the  construction  of  supplemental  drain 
tunnels  was  started  early  in  1904  and  finished  in  1906. 

In  constructing  tunnels  the  excavated  material  was  hauled 
from  the  heading  to  the  nearest  shaft  in  narrow  gage  cars,  which 
were  then  hoisted  to  the  surface  and  dumped.  Only  a  small  force 
was  employed  on  this  work,  one  or  two  crews  at  different  points, 
sometimes  with  two  shifts  per  day,  each  crew  consisting  of: 
One  tunnel  man,  at  $3.00  per  lt)-hr.  day;  two  helpers  and  one  or 
two  top  men  at  $2.25  per  10-hr.  day,  each;  and  one  hoisting  en- 
gineman. 

The  timber  supports  were  framed  by  a  man  especially  detailed 
for  that  work. 

A  total  of  4,021  lin.  ft.  of  new  tunnel  was  built  between  April, 
1904,  and  August,  1906,  at  a  total  cost  of  f  26,896,'  exclusive  of 
engineering  and  superintendence,  or  an  average  of,!  $6.69  per  lin. 
ft.,  as  compared  with  $5.65  per  lin.'  ft.  for  work  of  a  similar 
character  completed  in  1900-01.  This  increase  in-  cost  was  due 
largely  to  the  advance  in  the  prices  of  material  and  labor  during 
the  intervening  period.  In  1901  outside  laborers  were  paid  $2.00 
per  day  of"  10  hr.,  and  tunnel  men  $2.25  and  $3.00  per  day;  and 
timber  cost  $8.50  per  1,000  ft.  b.  m.,  delivered.  In  1904  and  1905 
the  same  rate  per  diem  was  paid  for  labor,  but  the  working 
hours  were  reduced  from  10  to  8.  This  is  equivalent  tO'  an  ad- 
vance of  25%  in  the  cost  of  labor;  at  the  same  time  an  equal 
or  greater  advance  had  takcM  place  in  the  price  of  timber  and 
other  construction  materials.  i 

The  4,021  ft.  of  new  tunnels  added  to  the-  length  originally 
constructed  gives  6,528i  lin.  ft.  in  the  complete  drainage  system. 

.The.  material  encountered  in  the  tunnel  extension  work  was 
chiefly  yellow  clay,  intermixed  with  fragments  of  basalt.  No 
large  pockets  of  water  were  discovered,  and  in  that  respect  the 
work  did  not  accomplish  all  that  was  ajaticipated,  but  the  ag- 
gregate volume  of  drainage  from  all  the  branches  has  been  large, 
ranging  from  18,000  to  108,000  gal.  per  day  during  some  years, 
the  quantity  depending  on  the  season  of  the  year  and  the  at- 
tendant rainfall.  During  recent  years  the  volume  of  this  drain- 
age has  been  somewhat  less  than  noted  above. 


1286 


HANDBOOK'  OP  BAiRTH  EXCAVATION 


Concrite  Tunnel  Culvert.  It  was  realized  that  the  timber 'sup- 
ports' would  soon  decay.  A  study  Was  made  to  determine  the  best 
method  of  lining  the  drains  so  as  to  insure  permanency. 


OFTAnS  OF  DRAINAGE  TUNNfl 
CAR  AND  HOISt   ' 


Dning  2x8 


ELEVATION  OF  CAGE  AND  CAR 


-^f' 


uide  tlmTjers. 


Xemiiorary  Vaterwar 
END  VIEW  PLAN  9f  SHAFT  AND  CAGE 

|Fig,  4.    Timbefiilg  Details,  Portland  Drainage  funnels." 

The  scheme  adopted  was  well  suited  to  this  class  of  work. 
A  circular  concrete  conduit  was  built  in  tlie  tunnels,  tiie  base  and 
sides  of'  which  were  constructed  as  a  monolith  of  the  dimensions 
shown  in  Fig.  5.     ' 
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!    The  advantages  of  this  method  of  construction  were  two  fold: 

First  the  distance  between  the  side  walls  perinitted  a  man  to 

move  freely  and  push  a  car  with  a  narrow  body.     AH  construction 


SECTION  OF  TUKJIEL  6H0W1N0  POSITION  OF  CONOUIT 


CONDUIT  AT  SHAFT 


Fig.  5. 


PLAN  ADOPTED  FOR  CONCRETECONDUIT  ^ 
IN  DRAINAGE  TUNNELS  UNDER  StlDING  LAND       > 
TRACT  WEST  OF  CITY  PARK  RESERVOIRS 

Plan  Adopted  for  Concrete  Conduit  In  lirainage  tunnels 
Under  Portland  Landslide 


materials  were  transported  from  the  foot  of  the  nearesi  shaft 
in  cars  running  on  a  narrow  gage  track  laid  on  the  tunnel  sills, 
pr  on  the  sewer  invert  after  it  had  been  built.     The  material 'for 
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back  filling  behind  the 'side- walls  and  over  the  top  of  the  sewer 
was  hauled  in  the  same  manner. 

Second,  this  style  of  construction  made  it  possible  to  cast  the 
arch  blocks  a  sufficient  time  in  advance  to  permit  them  to  become 
thoroughly  seasoned  before  being  put  in  place,  and  consequently 
the  work 'of  back  filling  was  not  delayed  while  waiting  for  the 
setting  of  the  arch  and  the  removal  of  its  supports. 

The  diajneter  of  the  conduit  was  fixed  at  28  in.,  that  being  the 
minimuin  size  which  would  admit  of  comfortable  inspection  from 
end  to  end  by  a  man  of  small  or  mediuin  stature. 

Of  22  shafts  originally  excavated,  7  at  suitable  poinj;s,  were 
permanently  lined  with  concrete;  the  others  were  filled  with  earth 
on  the  completion  of  the  tunnel  work.,' 

In  placing  the  arch  blocks  in  position,  the  ends  were  cemented 
to  the  side-walls,  but  no  attempt  was  made  to  close  the  crevices 
between  the  blocks  at  the  crown  of  the  arch.  This  space  of,  say,  ^ 
in.  in  width  for  every  foot  in  length  of  the  conduit,  was  left  open 
so  as  to  admit  any  seepage  water  which  might  percolate  into  the 
tunnel  and  thence  to  the  top  of  the  conduit. 

At  'intervals  of  about  50  ft.  a  cut-off  wall  of  concrete,  6  in. 
thick  and  18  in.  high,  was  built  across  the  tunnel  from:  side  to 
side.  These  walls  were  deep  enough  and  of  sufficient  length  to 
cut  off  any  flow  of  water  along  the  outside  of  the  sewer  walls. 
The  waler  is  conducted  into  the  conduit  through  a  3-in.  opening 
left  near  the  bottom  of  the  invert  at  the  up-hill  side  of  each  cut- 
off wall. 

At  each  side  of  the  conduit  a  line  of  3-in.  drain  tile  was  laid, 
connecting  with  the  opening  in  the  conduit  at  intervals  of  50 
ft.,  this  opening  being  a  few  inches  above  the  invert. 

The  concrete  materials  used  in  the  work  were  furnished  by  the 
contractor.  Mixing  and  laying  of  the  i  concrete  were  done  by  day 
labor  under  the  Department  foreman.  The  tunnel  foremen  were 
paid  $3.00  per  day,  and  other  inside  labor  $2.25  per  day.  De- 
tailed cost  kept  during  the  period  from  June  1,  1904,- to  June  1, 
1905,  showed  that  2,746  lin.  ft.  were  completed  at  an  average  cost 
of  $3.20  per  lin.  ft.  for  the  materials  and  labor  of  constructing 
the  conduit  and  back  filling  the  tunnel. 

Treatment  of  Railway  Slides.  An  abstract  of  a  report  by  the 
Roadway  Committee  of  the  American  Railway  Engineering  and 
Maintenance-of-Way  Association  was  published  in  Engineering 
News,'T>ec.  io,  1908,  from  which  the  following  is  taken: 

Slides  on  railroad  right-of-way  may  be  classified  as  follows: 
( 1 )  Slips  of  material  on  the  sides  of  the  embankment  away  from 
the  road  bed;  (2)  slips  of  portions  of  the  cut- toward  the  road 
bed;    (3)   general' slides  of  the  land. 
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Slides  of  embankments  are  endless  in  variety  and  magnitude. 
They  always  occur  in  wet  weather.  The  earth  becomes  surcharged 
with  water,  which  increases  its  weight  and  at  the  same  time  les- 
sens its  cohesion.  The  slide  starts  on  a  plane  of  rupture  that  is 
usually  curved. 

The  cure  of  slides  in  most  cases  is  surface  and  subterranean 
drainage,  which  is  often  difficult  and  costly. 

The  driving  of  piles  in  both  embankment  and  excavation  to 
hold  masses  of  earth  is  often  resorted  to.  This  is  never  more 
than  a  temporary  expedient,  and  is  advisable  only  in  special  eases. 

Retaining  walls  at  the  foot  of  a  slope  may  sometimes  be  neces- 
sary where  right  of  way  is  restricted.  But  in  the  open  country 
in  nearly  all  cases  where  the  ground  can  be  obtained,  the  flatten- 
ing of  the  slope  is  the  most  economical,  the  most  efficient  and  per- 
manent method  of  treatment.  The  lobe  at  lower  end  of  a  slide 
often  gives  a  good  point  of  support  or  foothold  for  the  filling  used 
in  restoring  the  roadbed. 

In  embankment  slides,  the  roadbed  can  be  restored  after  it  is 
dried  out  in  a  measure,  by  filling  in  with  suitable  material; 
Usually  the. steam  shovel  will  be  the  best  method  to  use. 

The  way  to  get  rid  of  slides  in  cuts,  is  to  take  them  out  by  the 
cheapest  and  speediest  way  possible.  Only  in  rare  instances  are 
other  methods  eflFective. 

riling  a  Sliding  Railway  Cut.  Engineering  '  News,  Apr.  30, 
1918,  gives  the  foUawing;  The  railroad  has  at  the  point  in  ques- 
tion a  double  track  on  a  curve  of  2%°  (with  7  in.  elevation)  at 
the  foot  of  a  cut  about  40  ft.  deep  in  sloping  or  sidehill  ground. 
The  material  is  a  wet  yellow  clay,  and  lies  on  a  stratum  of  shale' 
or  hardpan.  Water  soaking  through  the  clay  mass  gives  ajsmooth 
and  slippery  or  lubricated  surface  to  the  shale,  and  upon  this  the 
clay  slides.  Near  the  top  of  the  cut  is  a  public  highway  known 
as  the  Homestead  Boad.  In  January,  1906,  considerable  trouble 
was  experienced,  and  a  number  of  teams  were  employed  to  keep 
the  road  passable  by  filling  in  from  the  top  the  earth  that  was 
settling  away  towards  the  cut. 

In  the  spring,  two  rows  of  piles  were  driven  along  the  lower 
side  of  the  original  line  of  the  road  and  two  rows  of  piles  wiere 
also  driven  at  the  toe  of  the  slope.  The  rows  were  4  ft.  apart^ 
and  the  piles  also  4  ft.  apart,  the  rows  being  staggered.  The 
piles  were  driven  with  a  2,800-lb.  hammer,  and  were  driven  as  fibr 
as  possible  into  the  substratum  of  shale,  the  penetration  being 
generally  about  6  ft.  A  layer  of  brush  was  filled  between  the 
two  upper  rows  of  piles,  and  this  was  covered  with  earth  to  a 
level  about  2  ft.  below  that  of  the  road.  The  road  was  then  back- 
filled to  the  original  line  and  covered  with  broken   stone;     No 
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brush  fllling  or  other  work  was  done  at  the  lower  row  of  piles. 
There  are  over  900  piles  in  these  rows.  Two  French  drains  about 
3  ft.  wide  were  then  built  up  the  slope,  being  excavated  i  into  the 
shale  and  filled  with  about  4  ft.  of  loose  rock.  These  were  very 
expensive.  There  has  been  no  apparent  movement  of  either  of  the 
double  rows  of  piling,  or  of  the  slide,  since  this  -work  was  done, 
and  the  work  seems  to  have  accomplished  its  purpose.  • 

'  Preventing  Slips  on  Railways.  Ewgineering  2fews,  Mar.  16, 
1916,  comments  upon  the  success  attained  by!  the  Missouri,  Kan- 
sas and  Texas  Ry.  in  maintaining  uninterrupted  service  in  the 
Mississippi  Valley -during  periods  of  record  floods.  A' summary 
of  the  chief  engineer's  instructions  for  slip  prevention  is  given. 

A  common  cause  of  slips  in  embankment  is  illustrated  in  1,  Fig. 
6,  where  the  fill  has  been  widened^  without  properly  stepping  the 
old  slopes.  '  This  new  fill  of  impervious  material  -is  often '  placed 
in  such  a  way  that  the  shoulders' iof  the  fill  are  higher  than  the 
■  old  subgrade,  forming  pockets  or  troughs  that  retain-  water  and 
cause  soft  spots  in  the  track.  Care  should  be  taken  to  prevent 
this  byi  removing  the  ballast  from  eroded  or  settled  parts  of 
roadbed  and  bringing  the  roadbed  to  grade  with  new  material. 
The  slopes  of  the  old  fill  should  be  plowed  before  ■  adding  new 
material.' '  • '  i    " '      :  ' '  '        •  ' '  ■  -■  !  ■ 

The  same  precautions  apply  to  roadbeds  widened  for  additional 
tracksi  and~to  widening  roadbeds  in  fills.  Two  exainples  of  the 
effects  of  Jaulty  drainage  in  widened  „clay  embankments  are 
showni  in  2  and  i  3,  Fig.  6.  Transverse  stone-filled  trenches  would 
have  prevented  these  slips.  ■ 

In  cuts,  when  a  soft  spot  does  not  extend  to  a  great  dep£h 
and  the  cut  is  shallow,  it  is  economical  to  widen  the  cut,  lower 
the  side  ditch  to  a  depth  below  the  lowest  pocket  and  drain 
the  roadbed  into  the  ditch  by  means  of  a  stone-filled  trench  or  a 
tile  drain   (see  4).     ■  .      i. 

When  soft  spots  have  extended  too  deep  to  be  economically 
drained  by  deepening  the  surface  ditches,  they  should  be  drained 
by  tiling  laid  parallel  to  the  track  and  below  the  lowest  part  of 
the  soft  spot   (see  5  and  6). 

1  In  a  cut  where  there  is  seepage  from  both  sides,  intercepting 
drains  should  be  constructed  on  both  sides  of  the  track  (7)  ;  but 
if  the  seepage  is  from  one  side  only,  a  single  drain  should  be  on 
that  side.  ; 

.  Where  there  is  probability  of  water  from  a  wet  cut  entering  an 
adjoining  embankment,  a  tile  drain  or  a, stone-filled  trench  should 
he'Coristructed  across  'the  roadbed  near  the  end  of  the  cut,  to 
intercept  the  flow'  (8).:  ,     .       , 

9  and  10  represent  typical  conditions  Of i  .pocket  formation  in 
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cuts  and  show  the  way  drains  should  be  laid  to  take  care  of  such 
lormations.        ,  , 

11  gives  in  detail  the  method  of  laying  and  back  filling  tile 

Impraiw Method     Proper  Method  '      ■    &m^iua Tn„^^m^  /Iri^nqlJDM 
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t  I  II     ,.    ,     in  Diameter 

B"ig.   6.     Subdrainingi  Eoadbed  to   Prevent  Slips. 


drains  in  cuts.     Notice  that  these  drains  are  for  subsurface'  water 
and  are  not  intended  to  take  the  place  of  the  side  ditches.  ■ 
Some  general  points  to  be  borne  in  mind  follow :     Determine 
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the  depth  of  water  in  the  f ockets  by  digging  a  hole.  Subdrains 
must  always  be  laid  below  wet  elay  or  below  the  lowest  point  in 
the'  pockets.  If  they  are  not  so  laid,  they  will  not  drain  the 
pocket  and  will  soon  be  displaced  by  slips.  Trenches  should  be 
made  as  narrow  as  possible  and  should  be  braced  during  construc- 
tion, if  necessary.  Brains  parallel  to  the  track  should  be  laid 
as  close  to  the  track  as  the -stability  of  the  soil  will  permit  and 
according  to  their  depth,  but  they  should  never  be  nearer  to  the 
ends  of  the  ties  than  2  ft.  The  drains  should  have  a  fall 
ofnot  less  than  4  in.  per  100  ft.  In  deep  trenches  and  in  soft  or 
slipping  material  only  bell-end  tile  should  be  used,  because  it  re- 
tains its  alignment  better.  The  tile  should  be  hard-burned  and 
should  never  be  less  than  6-in.  in  size. 

After  the  trenches  have  been  excavated  to  grade,  about  3  in.  of 
cinders  should  be  placed  in  the  bottom  to  keep  out  the  wet  clay. 
The  tile  should  be  laid  on  the  side  of  the  trench  farthest  from 
the  track,  "but  not  less  than  4  in.  from  the  side  of  the  trench. 
The  sections  of  tile  should  be  laid  from  the  low  end  of  the  grade 
or  outlet  upgrade,  the  bell  ends  upgrade.  Joints  should  be  left 
open  enough  to  permit  water  to  enter,  but  not  so  open  that  dirt 
can  enter.  The  upper  end  should  be  closed  with  a  block  of  wood 
or  slab  of  stone,  and  the  outlet  should  be  covered  with  wire  net- 
ting to  prevent  animals  from  getting  in. 

The  backfill  should  be  made  of  cinders  all  around  and  to  12 
in.  above  the  pipe.  The  joints  may  be  lightly  covered  with  hay  or 
straw  while  the  backfill  is  being  made,  to  keep  the  joints  open. 
The  flu  directly  over  >  the  cinders  should  be  selected  material  and 
should  be  carefully  tamped  to  insure  stability  of  the  roadbed. 
The  tile  drain  is  not  intended  to  take  care  of  surface  drainage, 
the  ditches  providing  for  this. 

If  all  pockets  are  not  tapped  and  drained  by  drains  parallel  to 
the  tracks,  lateral  drains  should  be' laid  at  such  intervals  as  may 
be  necessary.  Vegetation  with  deep  roots  must  never  be  allowed 
to  grow  up  over  the  subdrains. 

Drainage  Tunnel  to  Stop  Sliding  Clay.  H.  G.  Wray,  in  En- 
gineering Record,  July  29,  1916,  describes  difficulties  encoun- 
tered in  shifting  the  Pennsylvania  Railroad  tracks  at  Cincin- 
nati, Ohio.  In '  eliminating  a  grade  crossing  it  became  necessary 
to  shift  the  tracks  into  a  hillside.  Several  test  pits  dug  into  the 
hillside  disclosed  a  peculiar  formation.  The  entire  hill  consisted 
of  a  soft  clayey  material  resting  on  a  layer  of  stratified  clay 
mixed  with  limestone,  which  dipped  at  a  very  abrupt  angle_  to- 
ward the  river.     See  Fig.  7. 

At  the  first  cut  of  the   steam  shovel,   in   preparing  the  new 
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subgrade  for  the  railway  tracks,  serious  cracks  developed  in  the 
hillside,  endangering  a  block  of  houses.  ■'•  •  : 

A  concrete  retaining  wall  was  planned  to  replace  an  existing 
stone  wall.  Mean^while  the  foundations,  of  10  or  15  houses  be- 
gan to  give  evidence  of  the  sliding  action  of  the  hillside,  as  large 
cracks  began  to  appear  in  them^  damaging  the  property  to  a  con- 
siderable extent.  In  view  of  these  houses  being  damaged  when 
the  construction  had  barely  begun,  it  was  decided  to  buy  the 
property  and  omit  the  construction  of  the  retaining  wall. 

JDuringthe  rainy  season  of  the  next  year  following  the  pur- 
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Fig.  7.     Drainage  Drifts  Used  to  Stop  Sliding  Clay  Hillside. 

chase  of  this  property  the  Sliding  action  of  the  hillside  increased 
and  cracks  developed  in  the  surface  of  Columbia  Avenue,  making 
it  necessary  to  take  steps  to  protect  the  street.  It  was  decided, 
therefore,  to  drain  the  hillside  to  see  whether  this  would  stop  the 
sliding. 

Drainage  drifts  were  driven  through  the  hillside  at  frequent 
intervals  to  provide  outlets  for  the  ground  water  and  to  elim- 
inate, as  far  as  possible,  its  spfeading  out  over  the  surfadeof 
the  substrata.  These  drifts  were  miniature  tunnels  4  ft.  high  by 
3  ft.  wide.  As  the  digging  progressed  each  drift  was  sheeted  at  the 
top  and  sides  with  2-in.  oak  plank.  Two  men  working  in  each 
drift  were  able  to  drive  between  2  and  4  lin.  ft.  of  tunnel  per  day. 
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One  man  removed  the;  material,  wMle  the  other  hauled;  it  to:  ttes 
mouth  of  the  tunnel  by  wheelbarrow.  ,'     ,     T 

After  the  completion  of  the  drift  it  was  backfilled  withi  eoarse 
rock  in  order'to  allow  iheiground  water  tO'flow  through  it.iK.i- 

These  drifts  were  of  varyingriength,  bwing  to  the  dharacteE^ 
of i  the  material  encountered,'  iiThey  were,  however,  driven  in  each 
case  until  the  underlying  >  straA-ifi^d  clay  was  reaehed.  Sbme  of 
them  are  belOw  the  tracks  and  extend  up  into  the  hillsider  north 
of  the  tracks.  Each  drift  was  given  an  outlet -to  a'  sewer  i  by  \ai 
4-in.:  drain^pipe  connection:  They  were  driven  at  an  aiverage :  cost 
of  $5  per  lin.  ft.  This  scheme  of  underdrainage  has  materially 
relieved  the  situation,  and  it  is  believed  that -it  will  be  a' suc- 
cessful undertaking.  ,  '  -r 
;  Two  years  after  the  work  was  started,  and  while  the  drainage 
drifts  were  under  construction,  a  surface  talus  of  5-ft.  depth 
started  to  erode  and  slide.  It  was  decided  more  practica,!  in  this 
ca^e,  since  the  slide  was  of  comparatively  shallow  depth,  to  builji 
a  retaining  wall  to  holdr  the  hillside  in  place. 
'  The  Treatment  of  a  Wet  Cut.  Railway  Age  Gazette,  May  17, 
1912; -gives  an  account  of  diffieulti'es  encountered-  at  Neff's  Cut, 
Pa.  on  the  Penn.  Ry.  This  cut  is  2,900  ft.  long,  and  is  located 
on  a  summit]  It  passes  through  impervious  potter's  clay,  which 
was  depressed  under  the  tracks  by  the  heavy  weight  of  passing 
trains  and  raised  in  the  ditches,  requiring  thg  constant  employ- 
ment of  a  large  force  of  men  to  keep  the  tracks  in  surface  and 
line  and  '.the  ditches  open.  The  extra  maintenance  cost  was  about 
$900  per  month,     ' 

Following  surveys  made  in  1909  the  grade  was  revised  and  the 
tracks  raised  3  "ft.,  2  ft.  ot  cinder  ballast  being  used  to  prevent 
the  muck  from  reaching  the  surface.  On  this  was  1  YtT  of  trap 
rock  ballast.  .  .    -■  -      i-_  i    I,.  .  ;     -,.'11     ,  .   ,  ,;  ,(,;  -,,:-( 

A  24-in.  cast  iron  pipe  under  the  tracks  was  lowered  to  a  depth 
of.  about  6  ft.  below  the  top  of  the  rail,  w;ith.  a  good  fall  and  ex- 
tenjded  ,by  ,the  use  of  ,add,itiojial  ter|ra  cptta  pipe  to  an  open  ditch 
draining  to  the  river.  Manholes,  were  provided,  jn  ,the.  pipe  line 
for;  cleaning  put  :sediment.  ,     .    ,  |  .,      .         _;,     ',.,'.,  .■ 

The  northern  intake  of  the  drain  was  connected  by  a  coyerfd 
flume  of  pipe  down  the  slope  of  tJie  out,  /wjiicl}  drains  all  the 
water  carried  by  a  berm  ditch  dui;ing  periods  <ii  heavy  rains.  As. 
the  rainfall  is  very  great  .it.  m,^terialjy  'assist?  in  keeping  ni^in 
drain  well  flushed.  Where  the  main  drain  qrosses  the  side 
ditchesi,  concrete  .inlets  were  installed,  alsp,;poi;neeted  by  24-in. 
pipe  on  each  ^ide,  with,  the  French  ,(irai^i,s,j  w,Mch  were  laid  by 
hand  in ,  the  side ,  ditches,   i   j,.,.^    __';;,,.;       '•■'., 

Standard  ditches  and  slopes  were  constructed  on  each  side  of 
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the  cut,  the  banks  were  sodded,  and  a  curb  -of  small  stone  set 
along  the  foot  of  the  slope  to  prevent  scouring  which  would 
allow  the  sod  to  slip. 

On  both  sides  of  the  track  it  was  necessary  to  shore  up  and 
'excavate  through  the  slough,  at  the  ends  of  the  ties,  to  the  depth 
of  from  4  to  6  ft.  and  6  ft.  wide ;  the  grade  at  the  bottom  run- 
ning toward  the  main  cross  drain.  These  ditches  were  filled 
with  large  stone  in  such  a  way -as  to  provide  simple  openings  to 
allow  the  water  to  find  its  way  to  the  main  cross  drain.  The 
weight  of  the  stone  combined  with  its  thrusts  against  the  slopes 
prevents  the  raising  of  mud  in  the  ditches.  It  is  interesting 
to  ngte  that  where  the  excavation  was  being  made  the  men  had 
to  leave  the  ditches  when  trains  were  passing,  as  their  weight 
forced  the  muck  anS  water  froin  the  roadbed  into  the  ditch  in 
small  streams,  as  if  shot  from  a  force  pump. 

On  the  north  side  of  the  railway  a  solid  "formation  exists  about 
half  way  through  the  cut,  and  where  the  strata  of  'slate  and  shale 
end,  a  heavy  retaining  wall  2,100  ft.  long  was  constructed  to  hold 
back  the  slopes,  which  had  constantly  slipped  and  filled  the 
ditches.  This  wall  in  connection  with  a  large  French  drain  doubly 
insures  against  mud  raising. 

Sin-ce  the  completion  of  this  work  in  August,  1911,  ii  has  been 
possible  to  maintain  line  and  surface,  a  standard  slope  and  ditch 
and  to  dispense  with  all  extra  men,  thereby  reducing  the  cost 
of  maintenance  of  this  section  -by  $900  per  month.  In  addition 
the  annoyance  of  trains  reporting  daily  "  track  bad  in  Neff's  cut " 
has  been  eliminated.  The  life  of  rail  and  fastenings  has  been 
increased,  as  prior  to  this  treatment  the  soft  roadbed  caused 
many  broken  splices,  line  and  surface  bent  rails  and  the  con- 
stant gaging  lessened  the  life  of  ties. 

On  accbunt  of  the  density  of  trafiic,  carts  were  used  to  re- 
move all  excavation. 

The  cost  of  treatment  lasting  over  two  years  was  $16,577. 

larife  Slides  in  N.  P.  Ry.  Cuts.  Engineering  News,  Mar.  25, 
1915,  gives  the  following: 

The  Day  Island  cut  on  the  N.  P.  Ey.,  10%  miles  from  Tacoma, 
Wash.,  gave  unexpected  trouble,  as  there  were  no  surface  indi- 
cations to  cause  suspicion,  and  in  smaller  cuts  very  hard  ce- 
mented material  had  been  -found.  The  cut  was  in  ground  slop- 
ing gradually  back  from  Puget  Sound,  and  was  about  700  ft.  long 
with  a  maximum  depth  of  50  ft.  at  the  center  linef*  About  200,- 
000  cu.  yd.  of  slide  were  removed  by  steam  shovel  in  excavating 
a  cut  of  100,000  cu.  yd.  The  cut  ibroke  back  to  a  maximum  dis- 
tance of  360  ft.  from  the  track  at  which  point  a  depth  of  about 
130  ft.  was  reached.     It  would  have  been  necessary  to  remove  a 
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larger  yardage  had  not  a  pile  bulkhead  been  built  for  a  distance 
of  630  ft.  •  The'  material  in  the  cut  was  loam  with  soine  blue 
tlay,  and  it  carried  a  considerable  amount  of  water.  ' 

The  Tenino  cut  w&,s  estimated  at  131,000  cu.  yd.,  but  there  were 
removed  before  its  completion  866,000  cu.  yd.,  or  735,000  eu.  yd. 
of  slide.  On  the  north  side  of  the  cut  there  was  a  slide  for  a 
length  of  850  ft.  extending  back  for  a  distance '  of  680  ft.  from 
tie  tracii.     Early  in  1914  a  smaller  slide  appeared  on  the  south 
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Excavating  and  Dumping. 

side.  This  measured  600  ft,  along  the  track  and  extended  back 
270  ft.  The  greatest  difficulty  vpas  with  the  first  slide  in  thi^ 
cut,  where  the  material  was  a  partially  formed  sandstone.  This 
material  broke  uji  as  the  slide  moved  toward  the  track  until  it 
had  lost  all  indications  that  it  had  ever  been  rock.  This  cut  car- 
ried a  very  small  amoun,t  of  water..  As  nearly  as  could  be  de- 
termined the  slide  was  moving  on  the  harder  rock  bene^h.' it.'  A 
small  portion  of  this  rock  was'  encountered  ait  grade. 

A  So6op  Car  for  Handling  Railway  Slides.     Engineering  News, 
July  16,  1914,  gives  the  following:    ' 
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The  car  (Fig.  9)  is  40  ft.  long  over  the  end  sills,  or  54  ft.  8  in. 
over  all;  it  is  equipped  with  a  20-ton  crane  mounted  over  the 
center  of  the  front  truck,,  and  having  a  fixed  reach  of  12  ft. 
A  double-drum  hoisting  engine  with  cylinders  8^  x  10  in.  oper- 
ates the  1-in.  hoisting  cable  and  the  %-in.  swinging  cable,  the 
latter  passing  around  a  bull-ring  at  the  foot  of  the  mast.  There 
is  a  vertical  boiler  8  x  3i^  ft.,  with  the  necessary  coal  space  and 
water  tanks.  To  the  hpisting  block  is  attached  a  swing  beam 
having  a  chain  at  each  end.  The  scoop  is  about  12  ft.  long,  7 
ft.  8  in.  wide  and  3  ft.  4  in.  deep  inside,  with  a  capacity  of  10 
cu.  yd.,  and  it  is  fitted  with  heavy  teeth  on  the  edge;  ~  The  car 
and  its  machinery  weigh  about  90^500  lb.,  which  the  scoop  in- 
creases by  16,900  lb. 

When  excavating,  the  front  of  the  scoop  is,  attached  to  the  chain 
hooks  and  its  rear  end  is  held  by  a  pin  and  backed  against  a 
heavy  bumper  in  front  of  the  car,  the  bumper  being  supported 
by  inclined  braces  from  the  sills.  When  the  scoop  is  loaded,  its 
front  end  is  raised  clear,  an'd  the  car  is  run  ouit.  At  the  dumping 
point,  the  scoop  is  lowered  upon  the  rails,  with  a  timber  or  metal 
block  under  one  side  (as  in  Fig.  9).  The  chains  are  then  de- 
tached from  the  end  and  hitched  to  lugs  on  the  bottom  of  one 
side,  so  that  the  scoop  can  be  tilted  and  emptied. 

The, ear  was  used  in  moving  a  slide  on  the  west  bound  main 
track  of  the  Norfolk  and  Western  E.  R.,  which  was  approxi- 
mately 110  ft.  in  length  and  5  ft.  deep,  containing  about  800  cu. 
yd.  It  required  10  hr.  with  the  scoop  car  to  move  this  and  con- 
vey it  from  100  to  150  fti  from  the  point,  of -the  slide.  The  labor 
cost  for  handling  the  above  quantity  of  material,  which  consisted 
of  dirt  and  rock,  amounted  to  $182  (including  work-train  cost, 
etc. ) ,  which  is  22.7  ct.  pfer  du.  yd.  On  occasions  when  it  has 
lieen  necessary  to  use  the  scoop  ear  for  handling  slides  it  has 
proved  very  satisfactory. 

,  Two  Methods  of  Stopping  Slides.  H.  Ephwer,  in  "  Bulletin  No. 
90  "  of  the  American  .Railway  Engineering  and  Maintenance-of- 
Way  Association,  gives  the  following: 

At  the  west  entrance  to  the  Oregon  Short  Line  tunnel  in  Idaho, 
where  the  sides  broke  off  vertically  and  heaved  the  track  at 
times  to  such  an  extent  as  seriously  to  interrupt  and  delay  the 
handling  of  material  from  the  tunnel,  good  results  were  obtained 
with,  ordinary  horizontal  bracing,  in  the  manner  shown  in  Fig, 
10. 

A  most  remarkable  slide  was  encountered  on  the  White  River 

Ry.,  at  the  entrance  of  a  tunnel  2,650  ft.  long  (Tunnel  No.  3,  at 

Omaha  Drive,   Ark.),   its  magnitude   precluding   all   thought  of 

,  removing  it.     The  disturbance  first  manifested  itself  at  a  side- 
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hill  cut.  In  removing  the  footing,  the  mass  of  clay  seemed  to 
lose  its  hold  on  the  rock  whereon  it  rested.  It  began  breaking 
off,  fltst  showing  cracks  insignificant  in  size  and  their  location 
being  confined  to  the  right-of-way,  but  lalter  reaching  far  out  into 
the  adjoining  hills,  bringing  down  trees  and  forming  breaks  in. 
the  surface  15  to  25  ft.  in  height  and  perpendicular.  The  tunnel 
penetrates  a  sag  in  the  Ozark  mountains,  consisting  of  a  boulder 
formation,  lime  and  rock  being  found  intermixed  with  clay,  a 
hydrated  silica  of  alumina  of  brownish  color,  due  to  the  presence 
cf  iron  oxide.    This  clay  is  very  plastic,  especially  ili  the  ap- 


Fig.  10.    Method  of  Bracings  Cut  in  gliding  Material. 

proaches,  where  action  ot  water  is  not  constant  as  in  a  tunnel.; 
Here  the  layer  of  clay  was  from  5  to  100  ft.  thick,  underlain 
with  strata  of  solid  rock  of  smooth  surface  and  slanting  at  an 
angle  of  from  5  to  10°  toward  the  creek  along  which  the  line 
had  been  located,  then  in  course  of  construction.  The  grade  of 
the  roadbed  entered  the  rock  20  ft.  below  the  surface;  in  other 
words,  the  approach  to  the  tunnel  had  a  20-ft.  rock  cut  with  clay 
in  the  slope  overlying  it.  ■  ■ 

As  soon  as  cracks  appeared  on  the  surface,  extra  precautions 
were  taken  against  surface  water.  The  surface  ditches  were 
given  steeper  grades,'  and,  where  possible,-  the  bottoms  were  ce- 
mented so  that  the  water  could  drain  off  more  quickly,  thus  re- 
ducing chances  of  penetration  to  a  minimum.  In  spite  of  this 
the  ground  continued  to  break,  and  started  to  move  toward  the 
open  cut,  at  first  dropping  into  it  little  at  a  time.  '  It  gradually 
increased,  until  after  a  rather  heavy  rain  the  entire  cut  was  filled' 
with  this  stuff,  involving  an  expenditure  of  $1  per  cu.  yd.  for  its 
removal.  Though  the  moving  masses  had  adopted  a  slope  .of 
nearly  1  on  2,- the  breaks  continued,  stretching  for  more  than  150 
ft.  into  the  hill  above  the  grade  of  the  roadbed,  and  over  500  ft.. 
distant  from  it. 

To  prevent  similar  occurrences  after  the  road  was  ingoperation, 
the  rock  cut  was  arched  over  for  a  distance  of  600  ft.  from  the 
portal  of  the  tunnel  "(see  Pig.  11).     An  arch,  framed  of  timber, 
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without  protection  against  "  side  pressure,"  cannot  be, relied,  jipon 
as  a  permanent  sajfeguard  against  slides.  To  make  it  serve,  hoTy-f 
ever,  should  the  mass  continue  to  move,  the  clay  bank  vpas  re- 
moved for  a  distance  of  12  ft.  from  the  edge  of  the  rock  cut,  and 
holes  were  drilled,  i|itO;  the  rock  8  to  10  ft.  in  deptlj.,,  and  ,frqip, 
10  to  15  ft.  apart,  in,  a  row  along  the  foot  of  the  clay  slope,  shots 
being' placed  therein  and  fired  simultaneously  by  means  of  an  elec- 
trici  battery.  The  rock  was  broken  but  not  scattered,  a  trench- 
like  crack  appearing  at  the  surface.  Logs  were  ,  cut  and  placed 
alongside,, ^ach,  other  with  the  butt  eiid  in  the  Hock,  crevicep,  -the 
other  end  overhanging  the  timber  arch,  and  resting  upon  its  top. 
The  material  under  the  logs  and  between  the  logs  and  the  arch  was 


Fig.  11.,   Cut  in  Rock  Roofed  as  Protection  Against  Sliding  Olay. 


tamped,  thus  forming  a  solid  flooring  over  which  the  material 
could  slide,  distributing  it  over  the  entire  arch  and  serving  as  a 
weight  instead  of  a  thrust.  ,  , 

The  further  object  of  cracking  the  rock  was  to  permit  the  water 
coming  through  the  clay  to  escape,  thus  leaving  the  footing  dry 
and  in  better'  position  to  act  as  a  support.  The  plan  worked 
very  satisfactorily.,  The  first  rain  produced  another  slide,  the  logs 
carrying  the  material  over  the  arch.  With  the  drain  in  the  rock 
at  a  distance  of  12  ft.  from  the  edge  of  the  cut  and  over  30  ft. 
from  the  foot  of  the  new  slope,  a  good  foothold  had  been  created 
which  served  the  purpose,  for  no  further  movement  of  the  over- 
hanging masses  (estimated  at  130,000  cu.  yd.)  has  taken  place 
since  that  time  (1904).  The  few  sticks  of  timber  in  the  arch 
which  had  moved,  were  displaced,  not  more  than  an  inch. 

Holding  Slides  by  Piles.  r.The  following  is  from  a  paper  by  R.  P. 
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Black,  Proo.  Am.  Soc,  0.  E.,  Vol.  XXXVI,  abstracted  in  Engineer- 
ing <md  Contracting,  June  8,  1910.  , 

The  southern  portion  of  the  Kanawha  and  Michigan  Eailway, 
for  93  miles  (from  Point  Pleasant  to  Gauley  Bridge,  W.  Va.),  is 
located  on  the  east  Side  of  the  Great  Kanawha  River.  For  about 
one-third  of  this  distance  the  roa;d  is  close  to  the  banks  of  the 
river,  bn  a  hillside  location,  where  there*  is: practically  no  valley, 
the  mouiltains  rising  directly  from  the  stream.  Owing  to  the 
character  of  the  soil,  there  is  considerable  trouble,  due  to  land- 
slides and  slips,  the  term  slips  being  used  where  the  fill,  or  em- 
bankment under  th«  tracks,  settles  or  slips  toward  the  river. 

At  Leon,  where  considerable  expense  was  incurred  in  maintain- 
ing the  track  around  a  slide,  the  hillside  was  removed,  and  the 
track,  for  2,060  ft.,  was  relocated  on  the  rock  bottom,  obtained 
by  cutting  back  to  a  side  hill  location.  By  this  method  the  en- 
tire landslide  was  removed  and  the  track  put  on  rock  bed,  thereby 
doing  away  with  the  trouble,  at  a*  cost  of  $20,000. 

At  Cannelton,  where^'the  largest  slow-moving  landslide  occurred, 
the  inain  -track  had  been  puahed  but  of  line.  -  Reverse?  cHryes^  were 
ma!ae,  in  order  to  get  back  to  the  aliriement,  but  -on  -account  of 
the  continual  sliding,  the  curves  became  too  sharp  for  opera- 
tion, and  the  side  track  between-  the  ^hillside  and  t}ve,  ^jjgjn,,  tijack 
became  completely  covered.  As  this  slide|.j  was  of  such  extent 
and  depth,  it  was  out  of  the  question  to  renjpve  it  in  order  to  get 
back  far  enough  for  a  rock  BHlbgrade,;as  at  LeoU;;-  •TheMqhange;:/)f 
line  not  being  feasible,  it  was  proposed  to  remov^  part  of  the  land- 
slide, permitting  the  relocation  of  the  tracks  on  their  original 
alinement  and,  after  completing  this,  to  protect  them  from  further 
slides.  ! '    ■  -  '  •        '  i  ■  '      '    ' 

A  steam  shovel  was  cut  in  at  one  end,  and  removed  enough  of 
the  landslide-  to  allow  the  two  tracks  to  be  changed  to  thfeir  or- 
iginar  location.  After '  the  > shovel  had  worked  about  three  days, 
a  slide  occurred  one  night,-  half'  burying  the  shovel.  -Steps  ,w:er,e 
then  taken  to-  hold  baeJ;  the  hillside  .before  further  slides  could, 
develop.  This  was  done  Successfully  by  driving  two  parallel  rows 
of  piling,  5  ft,  apart,  about  3,  ft.  from  center  to  center,  as  shown, 
in  Fig.  12i  The  upper  rows,  against  the  hill,  were, backed  with; 
3.-irij'  plank,  the  front  rows  being  driven  against  this  brace  in  ordepi 
to  aid  in  supporting  the  upper  rOw.  A  lOxlO-in.  :stringer  was' 
placed  against  the  upper  row,  and  from  this  8  x  8-in.  braces ,  were 
carried  diagonally,  at  an  angle^of  45',  to  the  lower  row  of  piles, 
and  these  were  sawed  off  ut  the  ground  level.  Steel  ibanda,  with, 
li-in.  rods  to  hold  the -two  sets  of  piling  together,  were  put  on. 
about  S  in.  below  the  top  of  the  brace  pile.  ;The,  depth,  of  :pene'- 
tration  of  the  piling  varied  from  15  to  30  ft.     The  piling,  was 
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selected  large  white  oak,  and  oak  timber  was  used  for  the  stringers 
and  braces.  Moving  the  shovel  ahead  about  30  ft.,  then  cutting 
it  back,  and  driving  the  piling  as  shown,  constituted  a  day's  op- 
eration. The  work  was  completed  successfully  without  further 
serious  landslides.  In  four  weeks  about  12,000  cu.  yd.  of  earth 
were  removed,  the  track  was  thrown  back  to  its  original  aline- 
ment,  and  the  landslide  was  stopped.     This  work  cost  $16,000. 

The  upper  limit  of  the  slide  is  about  135  ft.  above  the  track. 
The  slide  consists  of  about  200,000  cu.  yd.  of  moving  earth.  This 
work  was  done  in  the  spring  of  1907,  and  has  been  successful. 
At  several  places,  due  to  excessive  pressure,  the  braces  have  beei? 


jMMMtat.tr.aeaiiw  | 
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Fig.    12.     Pile  Brace  Against  Landslide. 


embedded  in  the  stringers.  The  earth  from  the  top  of  the  piling 
was  given  a  slope  of  I14  to  1.  At  several  other  points  smaller 
slides  have  been  stopped  with  one  row  of  piling.  The  piles  were 
driven  3  ft.  c.  to  c.  and  cut  off  3  ft.  above  the  top  of  the  rail,  the 
ground  above  being  given  a  slope  of  1^  to  1.  At  one  or  two 
places,  where  one  row  was  not  sufficient,  the  trouble  was  stopped 
with  brace  piling.  At  points  where  the  single  row  of  piling 
showed  signs  of  leaning,  due  to  the  pressure  against  that  part  of 
the  piling  above  ground,  this  overturning,  apparently  due  to  too 
much  length  above  ground,  was  stopped  by  cutting  off  the  piling 
3  ft.  above  the  ground  and  giving  the  earth  above,  it  a  slope  of 
11^  to  1. 

In  contending  with  landslides  ^  this  character  in  West  Vir- 
ginia, all  that  seems  to  be  necessary  is  to  obtain  a  good  toe  hold, 
which  stops  the  movement  of  the  earth-  above.  The  so-called 
slow-moving  landslides  on  the  Kanawha  &  Michigan  Ry.  have  been 
stopped  successfully  by  one  of  these  methods. 
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The  term  "  slips ''  is  applied  to  places  where  the  soil  slides 
into  the  river.  These  slips  occur  when  the  roadbed  is  con- 
structed on  a  fill,  ranging  in  depth  from  5  to  10  ft.,  across  narrow 
flats,  between  the  hill  and  the  river.  Due  to  the  constant  move- 
ment of  the  earth,  no  trees  grow  on  the  land  between  the  river 
and  the  railroad.  The  ground  slips,  gradually  into  the  river 
where,  from  time  to  time,  its  toe  is  cut  away  by  the  current. 

The  peculiarity  of  these  slips  is  the  fact  that  they  may  con- 
tinue for  one  or  more  seasons  without  giving  any  trouble.  Slips 
are  due  to  high  water  and  not  to  surface  water.  A  quick  rise 
and  fall  of  the  river  will  not  cause  the  soil  to  move,  but  con- 
tinued high  water,  or  several  successive  floods,  will  start  the  slip- 
ping action. 

In  the  spring  of  1908,  the  length  of  traclc  affected  by  the  slips 
was  7,600  ft.,  necessitating,  at  several  different  points,  the  main- 
tenance of  speeds  ranging  from  '6  to  20  miles  per  hour  for  five 
months,  until  the  dry  season,  when  this  slipping  action  stopped. 
In  Fig.  13  is  shown  a  cross-section  of  the  Brighton  slip,  which 
gave  the  greatest  trouble.  The  section  is  taken  at  right  angles 
to  the  track,  the  information  for  which  was  obtained  by  levels 
and  test  rods  driven  to  rock.  A  stratum  of  rock,  below  the  earth, 
slopes  toward  the  river,  ranging  from  1:0.2  to  1:1.  This  rock 
is  covered  by  successive  layers  of  red  clay,  varying  from  3  to  6 
ft.  in  thickness.  Immediately  above  the  rock,  and  in  thin  seams, 
from  4  to  8  in.  thick,  between  the  layers  of  clay,  is  found  a  quick- 
sand mixed  with  fine  day.  When  the  quicksand  and  fine  clay  be- 
come thoroughly  saturated  with  water,  the  mixture  aff'ords  a 
smooth  surface  over  which  the  top  soil  or  successive  layers  of  clay 
slide  toward  the  river.  After  high  water  these  seams  of  quick- 
sand can  be  traced  readily  by  the  water  seepage.  The  quicksand 
is  very  slimy,  and  contains  no  grit.  The  water  must  remain  over 
the  ground  long  enough  to  force  its  way  back  into  this  quicksand 
and  saturate  well  before  the  slipping  action  can  take  place. 

In  1908,  in  order  to  keep  the  track  safe,  the  gangs  on  four  sec- 
tions were  increased  from  three  —  the  normal  force  — ■  to  ten  men 
each,  and  these  increased  forces  were  maintained  for  four  months. 
The  tracks  had  to  be  resurfaced  and  lined  continually.  At  three 
different  times,  it  was  necessary  to  put  on  filling  material  and  bal- 
last in  order  to  keep  the  track  up  to  grade.  This  entailed  a  cost 
of  $4,400  more  than  the  normal  expenses  for  the  year.  The  track 
over  the  slips  was  not  only  costly  to  maintain,  but  dangerous, 
due  to  wrecks  resulting  from  derailments  on  account  of  rapid 
settlement  of  the  roadbed. 

At  Poca,  where  a  trestle  was  maintained  over  a  slip  for  about 
800  ft.,  due  to  the  heavy  cost  of  changing  the  alinement,  the 
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trestiework  was  filled  with  heavy  quarried  rip^rap,  and  the  fltl 
was  widened  so  that  the  stone  reached  the  river's  edge.  The 
weight  of  this  stone  fill  caused  settlement,  but,  after  adding 
stone  from  time  to  time  for  five  yqars,  the  roadbed  became  solidi 
It  is  thought  that  the  stone  fill  settled  to  the  rock  stratum  :beloW 
the  slip,  thereby  stopping  the  niovement.  i ,  . 

•  In  the'  spring  of  1909,  test  piling  was  driven  for  a  distanqe  of 
50  ft.  in  the  center  of  the  Brighton,  slijiii.  Transit  obseirvatianis 
taken  from  a  base  line,  showed  that  the  piling  did  pot  move  any 
appreciable  distance.  The  track  held  up  well  within  the  limits 
of  the  piling  where,  as  on  either,  side,  it  had  been  necessary  to  re- 
surface continually.       ^ 

The  test  being  successful,  two  rows  of  piling  were  driven,  one 
on  each  "side  of  the  track  at  the  Brighton  slip,  and  between  its 
limits,  for  a  distance  of  ,740  ft.  -The  piles  were  equipped  with 
steel  shoes  and  were  driven  3  ft.  apart,  center, to  center,  on  tjie 
down-hill  side.  Continuous  8  x  16-in.  timber  bracing  was  bolted 
to  the  piling.  The  work  was  done  with  a  self-propelling  traQk- 
driver.  A  temporary  spur  track  was  constructed  at  one  end  of 
the  slip,  thus  dispensing  with  the  services  of  a  work  train.  «The 
cost  of  this,  work  was  as  follows:  ;      , 

Hardwood  Jpilihgi' 8,075  ft.  at  iS'ct.  \.... $1,049.75, 

Steel  shoes,  12,690  1b.  at  3  ct.  .; 380.70 

Labor     '. . .  .s 856.35 

•     Fuel,    etc. ■■■:■■.' <..■ ••.••  'W9.00,,,ii 

■'■■'Totar  ..;....:... ■■ •■•    42,406180   ' 

Up  to 'the  present  time  (Sept.,  1910)  this  remedy  has  been  sue-- 
cessful.  -   1    -  '..   : 

At  another  point,  where  the  rock  strata  are  not  at.  greats  depth 
it  is  proposed  to  go  down  the  hillside  about'.  20  ft.  from  the  traeto;: 
put  down  holes  about  every  20  ft.,  and  blast  the  smooth  surface  of 
the  rock.  '  Thus,' by  roughening  the  surface  and  dfesteoying  i  Itie 
stratification,  the  sliding  of  the  clay  iinay  be  stopped,     t 

Stopping  a  Slide  by  the  T^se  of  Explosives.  Engineering  Neihs, 
July  1,1915,  gives  the  following:  -  '   '>■■ 

'  The  Pennsylvania  Co.  on  its  C.  &  P.  division  recently  built  a 
spur  track  about  a  mile  long  from  its  main,  track  to  the  plant  of 
the  Pittsburg-h  Crucible  'Steel  Co.  at  Mddland,  Penn.  In  excati 
vjtting  for  the  Hew  roadbed^  which  for' a  portion  of  the  way  lies, 
along:  and  below  the  Ohio  River  Passenger  Ey.,  a  bad  slide  .de- 
veloped aboiit  1,700  ft.  long,  extending  back  from  the  cut  a  maxi- 
mum width  of  about  350  ft. 'to  the  face  of  a  rock  cliff.  About 
40,000  cu.  yd.  of  material  in  excess  of  the  pjrelinsiinary  estimate 
slid  into  the  roadbed  prism  and  wasi  removed^by  a  Steam  shovel. 
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Fig.  14  shows  an  approximate  typical  section  through  the  slide. 
For  a  time  it  was  necessary  to  abandon  the  track  on-  the  side  to- 
ward the  new  cut,  using  the  other  track  past  the  slide.  The  track 
being  used  was  lined  back  up  the  hill  from  time  to  time  and 
brought  to  surface  with  blast-furnace  slag. 

In  a  thorough  study  of  soil  conditions  it  was  found  that  a  slid- 
ing plane  existed  at  the  top  of  a  bed  of  Are  clay  about  10  ft.  below 
the  surface  of  the  sliding  mass. 


0  wo'  "    aoo' '  ^00  «o 

Fig.   14.     Cross-Section   Through  Slide. 

Holes  large  enough  for  a  man  to  work  in  were  dug  on  15-ft. 
centers  to  the  surface  of  the  fireclay.  Then  a  2-in.  hole  was 
drilled  10  ft.  into  the  clay  and  the  lower  end  chambered  with 
two  sticks  of  40%  dynamite.  Three  kegs  of  black  powder  were 
then  placed  in  the  enlarged  hole  and  the  charge  fired.  The  clay 
was  lifted  into  mounds  which  connected  into  each  other  at  about 
the  surface  of  the  clay.  This  method  of  stopping  the  slide  proved 
a  complete  success. 

European  Railway  Practice  for  the  Prevention  of  Slides. 
There  is  much  in  print  on  this  subject  by  both  French  and  Eng- 
lish engineers.  Many  of  their  methods  can  have  but  little  appli- 
cation in  the  United  States.  However,  it  is  desirable  tO  know  a 
great  variety  of  methods  of  overcoming  slides.  Even  the  most 
laborious  sof  European  remedies  may  find  occasional  application 
in  America.  The  following  is  from  "  Notes  on  the  Consolidation 
of  Earthworks,"  by  Jules  Gaudard  (translated  from  the  French 
by  James  Dredge,  C.  E.)  and  published  as  paper  No.  1274  in  the 
Proceedings  of  the  Institute  of  Civil  Engineers,  Vol.  39  (1874-5)  : 

The  theory  of  the  thrust  of  earth  against  retaining  walls  is 
well  known.  In  Fig.  15,  the  retaining  wall  ;1S  designed  to  hold 
against  the  thrust  of  the  prism  ACX  sliding  along  the"  line  CX. 
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Fig.  16, 


Fig.  18. 
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If  however  there  is  a  water  bearing  'seam  at  CD  the  hypothesis 
of  the  theory  of  earth  thrust  4s  not  tenable,  and  it  may  be  im- 
possible to  construct  a  stabfe- retaining  wall. 

Earth  laid  in  layers  behind,  a  retaining  wall  possesses  a  sliding 
tendency  which  destroys' the-hypdthesis-i of  the  homogeneous  the- 
ory. It  is  preferable  to  place  the  earth  in  well  rammed  layers  in 
such  a  manner  as  to  form  stratifications  the  sliding  angle  of 
which  is  in  the  opposite  directipn  to  tlie  thrust  against  the  wall. 

Where  sliding  ground  malies  retaining  walls  unfeasible  the 
earth  must  be  retained  by  strutted  walls  provided  with  suflScient 
outlets  for  drainage. 

The  walls  of  the  Billsworth  cutting  (London  and  Birming- 
ham Ey.)  are '  strengthened  by  counterforts  strutted  undgrneath 
the  road  bed  (Fig.  16).  Over  head  strutting  is  appljied  uT  the 
case  of  high  walls  which  threaten  to  turn  over  rather  than  slide 
out.  at  the  base,  as  for  example^  on  the  inclined  plane  at  Euston, 
Fig..  17. 

Fig.  18  shows  an  arrangement  of  masonry  struts,  with  counter- 
forts spaced  21  It.  apart;  the  wall  its&lf  being  counter  arched 
between  counterforts,  to  check  it  from  yielding  under '  pressure 
from  the  back.  Masonry  struts,  placed  15  ft.  apart,  and  of  the 
form  shown  in  ,Fig.  19,  serve  to  strengthen  the  retaining  walls 
of  the  Chorley  cutting,  ( Bolton  and  Preston  Ry. ) .  These  are 
formed  with  upper  inverted  arches  to  give  them  additional  stiff- 
ness. When  the  cuttings  are  in  side-lying  ground  the  struts 
should  be  inclined,  as  in  Fig.  2Q. 

Where  there  is  only  one  side  of  a  cut  to  be  retained  or  where 
the  two  sides  are  very  unequal  ;thick  dry  stone  walls  may  be 
employed,  strengthened  by  long  internal  counterforts,  as  in  Fig. 
21.  This  class  of  masonry  acts"  aa  an  efficient  means  of  draining 
the  slope  behind  and  it  gradually  becomes  hardened  into  a  com- 
pact mass,  forming,  toget^gr  with  th^  counterforts  that  strengthen 
it,  a  body  of  firm  earth  and  stone  able  to  retain  the  mobile  ma- 
terial above.  .  . 

Fig.  22  shows  an  inclined  wall  with  counterforts  used  on  the 
Versailles- railway.  The  slope  of  the  cutting  of  Brigant  (Bles- 
mes-Gray)  is  supported  by  inclined?^arches  laid  on  the  slope,  the 
space  between  being  filled  with  dry  stone.  The  bases  of  the  piers 
rest  upon  a  continuous  footing  along  the  side  of  the  roadway, 
connected  with  a  similar  one  on  the  other  side  by  means  of  in- 
verts. The  slope  is  drained  by  pipes  leading  to  a  central  cul- 
vert at  C  below  the  invert.  Fig.  ,23. 

Causes  of  Landslides.  In  considering  the  physical  properties 
of  earth  and  t^eir  relation  to  slides  attention  is  called  to  the 
marked  tendency  of  clays  to  shrink  and  crack  as  they  dry  out. 
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Fig.  19. 


Mg.  20. 


Fig.  22. 


Fig.  23. 
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Eain  penetrates  these  cracks  or  Assures  and  soaks  into  the  clay  ■ 
which  expands.  Renewed  dryness  opens  the  cracks  wider  than  he- 
fore.  If,  in  connection  with  these,  fissures  on  the  surface,  under- 
lying water-beariiig  seams  exist  in  the  clay,  slides  are  very  likely 
to  occur.  In  Fig.  24,  when  the  fissure  A  B  descends  near  enough 
to  the  water-hearing  seam  C  E  the  fall  of  the  mass  ABCE  is  im- 
minent although  no  disorganization  other  than  the  fissure  A  B 
has  occurred.  ' 

The  chief  means  of  dealing  with  these  slippery  formations  con- 
sist :  ( 1 )  in  insuring  the  free  discharge  of  the  water  by  means 
of  channels,  drains  or  filters  in  stich  a  manner  that  the  ground 
shall  be  gradually  dried  and  consolidated;  (2)  in  taking  off  the 
rain  or  surface  water  as  rapidly  as  possible,  by  means  of  im- 
permeable coverings,  benches,  or  ditches;  (3)  in  preserving  the 
loamy  soils  from  the  action  of  the  sun,  rain,  and  frost,  and  some- 
times in  protecting  the  foot  of  slopes  with  walls  or  simple  coun- 
terforts of  well-rammed  earth. 

Concerning  the  proper  slopes  to  be  employed  in  cuttings  in  bad 
ground  it  is  well  to  increase  them  to  2  or  3  of  base  to  1  of  height 
instead  of  employing  1^  to  1  or  1  to  1  which  are  applicable  in 
good  material. 

Cuttings.  The  side  slopes  of  a  cutting  may  be  drained  by  the 
construction  of  channels  (Sazilly  system)  if  the  water-bearing 
seams  are  clearly  defined;  by  pipe  drainage  if  the  distribution  of 
water  is  more  vague  and  general;  and  lastly,  by  filtration  in  the 
case  of  water  bearing  sand.    -  - 

Water  Bearing  Strata.  In  water  bearing  strata,  in  some  in- 
stances, a  deep  narrow  trench  has  been  excavated  in  the  bank  at 
a  suflScient  distance  from  the  face  of  the  slope.  The  trench  is 
timbered  and  filled  with  dry  stone,  as  in  Fig.  25.  The  planes  of 
moisture  in  the  prism  ABC  dry  up,  and  the  earth  gradua,lly 
and  surely  becomep  consolidated.  This  method  is  good  but  costly; 
it  may  be  employed  to  arrest  movement  already  commenced. 

Sazilly  devised  a  more  economical  system  of  small  longitudinal 
drains  established  near  the  face,  of  the  slope,  and  formed  in  the 
vicinity  of  the  seam.  At  the  bottom  of  a  cutting  in  the  face  of 
the  slope,  is  placed  a  channel  formed  transversely  of  three  flat 
tiles  set  in  hydraulic  mortar.  Or  the  channel  can  be  formed 
with  a  single  row  of  half  round  tiles.  Round  or  broken  flints 
2  in.  in  diameter,  or  sometimes  furnace  slag,  are  thrown  over  the 
channel.  The  largest  pieces  are  placed  below  and  the  smallest 
nearer  the  water  bearing  seam.  _  This  stone  filling,  heaped  against 
the  vertical  side  of  the  cutting  in  the  face  of  the  slope,  is  always 
high  enough  to  cover  any  irregularity  in  the  line  of  the  water 
discharged.     The  surface  may  be  covered  with  turf  or  with  a  layer 
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of  cla.y  or  matting,  with  tiles  or  with  flat  stones  to  keep  out  the 
mud  which  would  gradually  choice  the  drain.  Two  lines  of  water 
Qiscnarge  at  least  18  in.  apart  can  be  served  by  the  same  channel. 
,  Ihis  system  of  drainage  is  laid  in  the  face  of  the  slope  with  gra- 
dients of  at  least  1  in  100.     See  Fig.  26. 


arnbttr 


Fig.  24. 


Fig.  25. 


A  slope  of  loamy  soil  should  be  completely  covered  against  the 
action  of  weathering.  The  revetment  may  be  executed  of  rammed 
earth  in  successive  layers  from  6  to  8  in.  thick,  laid  with  a  slope 
opposed  to  the  face  of  the  bank.  The  face  of  the  bank  should 
be  furrowed  as  in  Fig.  27  if  the  slope  is  steep.  Ordinary  turfing 
would  be  insufficient,  whereas  sods  laid  as  in  Fig.  28  would  be 
costly,  apfj  still  permit  water  to  enter  between  the  interstices. 
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In  deep  cuttings  commanded  by  higher  natural  slope  it  is  of 
great  importance  to  check  the  action  of  the  surface  water.  With, 
this  object  a  ditch  is  formed  at  the  foot  of  the  natural  slope, 


Fig.  27. 


Fig.  28. 


as  in  Fig.  29.  This  ditch  must  be  of  clay,  puddled  to  make  it' 
impermeable.  An  open  channel  in  stone  or  brick,  as  in  Fig.  30, 
is  better  as  it  is  less  likely  to  let  water  percolate.     A  still  better 


Fig.  29. 

method  consists  in  dividing  the  face  of  the  slope  into  a  number 
of  stages  in  such  a  manner  that  the  action  of  the  surface  water 
is  greatly  reduced.     The  top  of  each  stage  or  bench  is  given  a 


reverse  slope  of  15%,  forming  a  channel  which  conducts  water  to 
drains  laid  at  intervals  on  the  surface  of  the  slope,  as  in- Fig.  31. 
The  channels  up  the  side  of  the  cutting,  which  take  off  the  water 
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fr,om  the  trench  drains  can  be  formed  of  small  stones  covered, by 
the  revetment,  and  resting  on  the  natural  ground,  as  in  Fig.  32. 
Pipe   prains.     When    water-bearing    seams    are   numerous,    jr- 
regular,  or  indistinct,  pipe  drains  may  be  employed  wherever  any.. 


~JS-i 


"-  Fig.,  31. 

discharge  of  water  shows  itself.  On  the  Croydon  and  Birmingham 
railways  .in, ^nglap,d  the reflSpiepcy  of  pipe  drains  has  been  ip- 
creased  by  making  numerous  small  openings  in  them,  enlarged  to-, 
ward  the  inside,  as  in  Fig.  33,  ,Ovifing  to  the  forpi'  of  the  holes  any 
mud,  which  may  enter  from  the  outside  of  the  drain  frees  itself 
immediately  and  passes  ofl^  with  the  water. 
A  line  of  drain;pipes  is  plaqed  along  the  crest  of  the  slope,  and 


■!^W^^ 


Fig.  32. 


from  this  line  others  decend  transversely  into  the  side  dit,ch,^. 
At  regular  intervals  a  vertical  pipe,  C,  in  Fig.  ,?4,  rises  frojn  t^e, 
main  line  for  the  purpose  of  ventilation.  The  circulation,  ,pf,aif,^ 
thus  obtained  causes  the  deposit. left,  in  the  pipe  in  dry  sveatjie.r.jo,. 
prack    and  thus  it  is  easily  .removed  the  first  time  ^at^paspe^; 
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through  the  pipe ;  on  the  other  hand  this  arrangement  causes  ^ 
choking  vegetable  growth  within  the  drain.  The  pipes  are  laid 
5  or  6  it.  below  the  surface,  toward  the  foot  of  the  slope  and  3  ft. 
beneath  at  the  top.     They  are  spaced  about  15  ft.  apart. 


Fig.  33. 


Fig.  34. 


Pig.  35  shows  an  arrangejtnent  used  on  the  railroad  from 
Blesmes  to  Gray,  France;  drain  pipes  1.8  inMn  diani.  are  laid 
39  in.  below  the  slope  and  from  10  to  20  ft.  apart.  These  dis- 
charge into  longitudinal  collectors  placed  near  the  side  ditches. 
A  third  central  collector  drains  the  roadway  and  is  placed  in  eon- 
nectioii' 'with  the  two  lateral  drains  by  pipes  laid  from  32  to 


65  ft.  apart.     They  are  formed  by  pipes  3.34  in.  in  diam.  and  are 
covered  with  broken  stones. 

Fig.  36  shows  a  drainage  system  used  on  the  Eastern  railway 
of  France.  Drains  at  least  2.36  in.  in  diameter,  surrounded  by  a 
filtering  material,  and  with  a  minimum  inclination '  of  1  in  200, 
are  laid  in  a  deep'narrow  trench  M  N  to  the  rear  of  the  top  of  the 
slope.  Oii  that  side  of  the  t;rench  farthest  from  the  face  of  the 
slope  are  placed  small  vertical  pipes  about  6^  ft.  apart.  These 
pipes  are  stopped  short  of  the  surface  of  the  ground  and  com- 
municate below  with  the  longitudinal  drain.  The  trench  is  then 
filled   with    earth   and   well   rammed.     Other    collectors    beneath 
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the  side  ditches  drain  the  formation  to  a  depth  of  4  ft.  The  mass 
M  N  E  C  D  being  thoroughly  drained  by  this  means,  acts  as  a 
counterfort  to  resist  the  thrust  of  the  moist  ground  behind  M  N. 
The  Ashley  cutting  on  the  Great  Western  railway,  England, 
was  drained  by  a  system  of  inclined  transverse  galleries  and 
sumps,  connected  by  a  longitudinal  ,  gallery  in  such  a  manner 
as  to  tap  all  the  water-bearing  seams.  On  the  Great  Eastern 
railway  the  slopes  were  drained  by  sumps  filled  with  broken 
stones,  and  by  discharge  pipes. 


■..iVl'/iff; 


Fig.  36. 

A  cutting  in  the  North  of  Spain  was  attended  by  land  slips,, al- 
though the  stratifications  were  normal  to  the  face  of  the  upper 
slope.  In  such  a  case  water  is  retained  in  pockets  and  can  be 
removed  only  by  a  syphon.  Collecting  wells  were  sunk  and  sur- 
rounding trenches  were  made  as  well  as  a  system  of  galleries. 

On  the  Western  railway  of  Switzerland  drain  pipes  were  laid  in 
the  slope,  as  shown  in  Fig.  37,  in  such  a  way  as  to  drain  a  con- 
siderable thickness  of  earth.    A  number  of  pipes  are  jomed  to- 


Fig.  37. 


Fig.  38. 


gether  with  sleeves,  as  shown  in  Fig.  38  These  sleeve  jomt^  are 
kept  in  place  by  means  of  an  iron  wire  from  one  to  another  The 
built  up  length  of  pipes  is  shoved  into  a  hole  m  the  face  of  the 

^^I^Tli^nTaCbtring  sands  which  discharge  from 
their  whole  mass,  drainage  can  be  only  partially  successful,  and 
4tts  necessary  to  have  recourse  to  filtering  appliances,  covermg 
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the  wliole  of  the  slope  which  is  to  he  consolidated.  On  the  North- 
ern railway  of  Prance  there  is  reset  a  stone  facing  from' 5  to '6 
in.  thick,  covered  with  stone  packing  or  turf  12  ini  thick.  '  A  9 
;or  10-in.  revetment  is' suiEcieht  to  keep  out  the  frost  which  would 
stop  the  Water  discharge.    ''  .■■■■:.'" 

■  'Gi"£tvel  fascines,  shown  in  Fig.  39  and  40,  should  be  uSed  where 
'there  is  an  aWiidarit '  flow'  of  water.  They  are  formed  of  envel- 
opes of  ■  brUshWobd  fastened  with  iron  wire  and  filled' with  gravel 


Fig.  40. 


or  broken  stone.  These  fascines  are  laid  in  horizontal  furrows 
formed  in  the  face  Of  the  slope/  A  layer  of-gravel'4  iji,  ;thick  is 
put  on  to  equalize  the  surface,  and  the  whole  covered  with,  turf 
olr  dirt;'''  ',         ., '        ■  ,.,. 

Sometimes  in  very  fluent  sands  the  side  ditches  of  the  joad 
bed  fill  as  fast  as  they  are  madei'  The  most  efficient ;  remedy 
against  this  is  to  place,  firet^  two  fascines-  as  shown  in  Fig.  t41, 
and  to  excavate  the  intermediate  material.    At  the  end  of  a  iew 


Fig.  41. 


Fig.  42. 


days,  the  upper  bed  .will  be  drained  and  two  other  fascines  may 
be!  mid  at  a  lower'  level  aild  so  on,  finally  the  ditch  is  lined  with 
stone,  as  in  Fig.  .42. 

Restoring  Cuttings  After  Landslips.  When  a  landslip  is  not 
very  considerable  it  is  sufficient  to  raise  it  completely  and 
promptly,  so '  as  not  to  allow  timis  for  fresh  slips.  The  new 
^ground  is  then. drained  and  strengthened  with  a  counterfort;'  On 
the  line  from  London  to  Birmingham  and  on  the  Croydon  rail- 
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way  some  local  slips  were  restored  with  counterforts  of  dry  stone 
and  gravel. 

In  some  cases  it  may  happen  that  the  glacis  of  a  slip,  MN  Fig. 
43,  may  be  below  the  level  of  the  side  ditch.  It  is  then  advisable 
to  baild  it  up  again  with  carefully  rammed  earth. 


' of  Leakage 

oTLeokaga 


With  land  slips  of  a  larger  scale,  in  many  cases  the  principal 
part  of  the  fallen  earth  may  be  left  in  place.  Fig.  44  shows  the 
treatment  of  a  land  slip  in  the  Hundsoff  Cutting  of  the  Wissem- 
bourg  railway.  An  excavation  A  B  C  D  was  made  of  sufficient 
extent  to- lay  bare  the  undisturbed  ground,,  and  at  the  foot  an 
open  drain,  C,  was  formed.  It,  the  material  is  very  soft  this  ex- 
cavation must  be  timbered,  but  it  is  sometimes  firm  enough  to 


Lvoiitr^ 


allow  the  earth  excavated  to  be  thrown  temporarily  on  top  of  the 
slip,  as  at  G.  The  drain  is  covered  with  turf,  then  a  rammed 
earth  counterfort,  B  D,  is^  formed  and  finally  the  excavation  is 
refilled  with  earth  from  G.  If  the  fall  of  the  water-bearing  seam 
•  is  insignificant  it  is  necessary  only  to  clear  away  the  portions  E 
that  have  fallen  on  the  way.  A  new  face  slope  is  formed,  which 
is  covered  with  12  in,  of  rammed  earth.  The  top  surface  of  the 
slip  ought  to  be  evenly  dressed  and  all  cracks  stopped  up  to  pre- 
vent entrance  of  rain  water.  In  land  slips  of  considerable  length 
parallel  to  the  way,  it  is  advisable  to  form  transverse  cuttings 
at  intervals,  connecting  the  low  points  of  the  drain  with  the  side 
ditch. 
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It  is  especially  ad-visable  in  cases  where  the  angle  of  slip  is 
considerable,  to  prevent  the  recurrence  of  such  an  accident  by 
retaining  the  ground  with  a  rammed  earth  bank,  separated  from 
the  slip  by  a  filtering  wall  of  broken  stones,  as  in  Fig.,  4S, 


Fig.  45, 

Sometimes  the  slip  hollows  out  the  subsoil,  remains  more  or 
less  charged  with  water  and  tends  to  fall  further  upon  the  road- 
bed. It  is  then  preferable  to  excavate  the  upper  portion,  ,M  N  P  in 
.  Fig.  46,  and  at  the  same  time  the  face,  N  P,  is  exposed  for  drain- 
age.  '         "  ,'■,.,■.,.  ,',   .,' 


Fig.  46. 


The  Consolidation  of  Embankments.  The  simplest  treatment 
for  yielding  foundations  is  to  add  material  to  the  embankment 
until  subsidence  has  ceased.  This  is  often  too  costly  and  other 
means  of  consolidation  are  required.  The  condition  of  the  sub- 
soil can  sometimes  be  improved  by  driving  a  large  number  of 
short  piles  or  by  excavations  in  the  form  of  truncated  pyramids, 
filled  afterwards  with  compact,  clay.  Generally  the  true  solution 
consists  in  draining  th^  subsoil. 

Fig.  47  shows  the  method  of  draining  the  foundations  of  an 
einbankment  at  Val'Fleury  on  the  Versailles  railway.  Two  large 
parallel  drains  were  formed  on  the  lower  side.  Thesfe  drains,  from 
39  to  50  ft.  deep,  were  connected  together  and  led  all  the  water 
away  i  in  such  a  manner  that  the  foundation  was  dried,  and  was 
surrounded  and  maintained  as  by  a  protecting  belt. 

Between  Otzaurte  and  Oazurza  in  the  North  of  Spain,  moist' 
valleys  are  met  with,  where  the  soil  of  clay  and  marl  slips  on 
schistose    strata.     Several    embankments    on    the    northern    line 
yielded  at  the  base,  and  it  became  necessary  to  surround  the  area 
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on  which  they  stood  by  a  double  network  of  drains;  encircling 
ditches  with  discharge  culverts  for  the  surface  water;  then  for 
the  internal  drainage,  galleries  5  ft.  high  and  39  in.  wide  were 
driven  along  the  schist,  and  cutting  into  it  from  15  to  20  in., 
in  order  to  stop  subsequent  movement  and  to  drain  the  sliding 
surface.  These  galleries  followed  the  irregularities  of  the  rock 
in  such  a  manner  as  to  involve  slopes  of  from  1  in  33  to  1  in  17. 
They  were  then  filled  with  a  mass  of  broken  stone  leaving  a  space 
at  the  top  clear  of  the  fissures  which  admit  the  water. 


Saiut 


Fig.  47. 


Sliding  Embankments.  Embankments  are  often  built  without 
consolidation  for  the  sake  of  economy.  If  they  are  of  poor  ma- 
terials and  become  saturated  they  are  apt  to  slip.  -Where  a 
central  core  is  made  by  end  dump  and  the  embankment  widened 
-by  side  dump,  slipping  is  very  likely  to  occur.     Such  an  embank- 


Fig.  48. 

ment  may  be  thoroughly  consolidated  by  the  addition  of  counter- 
forts of  carefully  rammed  earth,  separated  from  the  earthwork 
by  a  filter  of  broken  stone,  about  1  ft.  thick,  or  by  a  wall  of  gravel 
fascines.  See  Fig.  48.  It  is  preferable  to  execute  these  counter- 
forts in  advance  with  earth  taken  from  the  site  as  at  a  b  c  d  e  a. 
By  doing  this  they  can  have  time  to  consolidate.     They  should  be 
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rammed  in  inclined  layers  in  a  direction  the  reverse  of  the  slope 
of  the  embankment. 

On  side  lying  ground  an  embankment  may  slip  even  if  formed 
of  good  material.  It  is  necessary  in  such  cases  to  trench  out. 
the  natural  surface,  as  in  Fig.  49  in  order  to  give  sufficient  hold. 


Fig.  49. 

Repairs  of  Fallen  Emhankments,  When  the  slope  of. an  em- 
bankment has  fallen,  it  is  advisable,  to  remove  the  foot  by  s'hort 
lengths,  and  to  replace  the  excavation  at  opce  with  well  rammed 
earth  in  horizontal  laj'ers,  or  in  beds  inclined  the  reverse  way 
of  the  slope.  .  '  , 

Fig.  50  shows  an  arrangement  adopted  on  the  Vendeuvre  em- 
bankment for  a  length  of  230  ft.  A  portion  of  the  fallen  ma- 
terial was  left,  being  covered  with  a  counterfort  of  rammed  earth 
and  new  ground  above,  while  the  drainage  was  effected  by  means 
of  a  gravel  filter  standing  in  a  brick  channel. 


« 2i'....»      ^,'^?" 

Fig.  50. 


Fig.  51. 


On  the  Mpneerf  embankment  ( Paris-Coulonmers  railway)  the 
filter  is  "of  broken  ^stone  surrounded  by  ma-ttrng.  At  some  parts 
it  was  necessary  to  form  two  of  these  Alters  within  the  fallen 
portion  of  the  work.  Fig.  51.  They  are  connected  together  and  to 
the  outside  slope  bj'  transverse  drains.  Two  superimposed  coun- 
terforts retain  the  filters. 

■ :  On  the  Main-Weser  railway  some  clay  embankments  slipped  and 
were  restored  with  sand.  Pockets  filled  by  sand  became  sat- 
urated with  water  and  were  drained  by  pipes  covered  with  5  ft. 
of  broken  stone,  A  B  in  Fig.  52. 

On  the  \A'issembourg  railway  the  sides  of  the  fallen  embank- 
ments were   drained   by   means   of  transverse   trenches   in  which 
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were  placed  gravel  fascines,  as  in  Fig/  53.  These  were  afterward 
covered  with'  a  facing  bf  good  earth  combined,  with  the  fsillen  ma- 
terial, and  w;ell  rammed. 


— '_£ — -J — •  r  r 


Fig.'  52. 


SteUen,  AS. 

■■^^^^^PJ" 

-'^S^-.  ■■ 

?  .^^^^^^mMm'^,  's : , 

^m^^^ 

Fig. '53. 

Stopping  Slips  on  the  Nottingham  and  Melton  Ry.    This  work 
~  is'  described  by  Edward  Parry^  in  paper  1756,  Proc.  Inst.  G.  E. 
"    In  the  cuttings  through  the  boulder  clay  Where  th& 'material 
was  homogeneous  no  Slipping  to  any  appreciable  extent  took  place, 
but  where  pockets  'of'  sand  occurred  in'  the'  shale  and  clay,  the 
slopes  gave  considerable  trouble,  continually  breaking  off  verti- 
cally at  the  back  from  the  top,  after  being  triinmed  to  aslope  of 
1%  or  i2,'  to  1.  -Water  vvas  generally  found  in  the  sand,  at  the 
base  of-  the  slips,  and  was  apparently  the  cause  of  them.     These 
"when  Small  were  frequently  cleared  away  entirfelydown  to  the 
solid, 'and  the  line  of  slope ''restored  by  filling  in  with  burnt  bal- 
last, brdlcen  boulders,  or  other  convenifehthard  dry  material,  which 
allowed  the  water  at  the  back  to  drain  off  without  doing  further 
i'njury.     Where,  however,  the  slip  was  very  large,  extending,  as 
in  one  case  at  the  north  end  of  Stanton  tunnel,  6  or  7  chains 
along  the  slope,  and  from  20  to  40  ft.'  in  depth,  another  method 
was  pursued:  a  deep  drain  parallel  to  the  line  of  railway  and 4  or 
?  ft.  wide  was  taken  down  at  the  back  of  the  slip  to  the  solid 
ground,  and  filled  with  burnt  ballast;  cross  drains  were  cut  from 
it  to  the  face  of  the  slope  to  bring  out  the  water,  and  the^toe  of 
^he  slip  was  secured  by  being  burnt  for  a  width  of  about  20  ft., 
the  whole  being  finally  trimmed  off  to  a  flatter  slope.  -     ' 
'Two  lairge  slips  occurred  in  cutting  No.  9  in  the  litis  Shales, 
on  opposite  sides  of  the  line,  somewhat  similar  in  character'  to 
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those  before  described,  breaking  off  verticallyi  at  the  back  from 
near  tlie  top  of  the  slope.  In  this  case  the  bottom  oi  ,the  slips 
extended  underneath  the  formation  of  the  railway,  and  the  toe  of 
the  one  being  pressed  on  to  the  toe  of  the  other,  by  the  weight 
at  the  back,  caused  both  slips  to  turn  and  rise  upwards,  lifting 
the  ground  several  feet.  In  fact,  a  gang  of  men  had  to  be 
continuously  employed  lowering  the  temporary  roads  in  order  to 
keep  the  work  going.  These  were  dealt  with  in  the  following 
manner :  —  In  addition  to  drains  at  the  back  and  a  toe  of  burnt 
ballast  on  each  side,  the  ^lips  were  cut  down  to  the  solid  ground 
in  the  center  line  of  the  railway,  varying  from  3  to  9  tt.  under 
the  formation  level,  and  cleared  out  for  the  full  width,  the  space 
thus  excavated  being  then  filled  in  with  rough  furnace  slag,  which 
entirely  prevented  any  further  lifting,  and  upon  which,  after 
being  ballasted,  the  permanent  way  was  laid.  The  burnt  ballast 
and  drains  afterwards  kept  up  the  slopes  of  the  cutting,  which 
were  trimmed  to  an  irregular  batter. 

Paper  1760,  Proc.  Inst.  C.  E.,  by  John  William  Drinkwater 
Harrison,  contains  the  following: 

In  treating  slips  on  the  Nottingham  and  Melton  railway  two 
methods  were  mainly  adopted. 

.1st.  The  toe  of  the  slip  was  burnt  into  a,  compact  mass  of  bal- 
last, the  width  at  the  base  varying  from  8  ft.  to  20  ft.,  or  more. 
This  retaining  wall,  for  such  it  virtually  was,  having  been 
formed,  the  foot  of  the  slip  was  weighted, as  far  as  possible,  and 
the  slope  was  left  concave  where  practicable,  having  a  versed  sine 
one-thirtieth  of  its  length.  The  foundation  of  the  ballast  heap 
was  2  ft.  below  the  original  surface.  In  no  case  did  this  wall 
of  ^llast  give  way,  though  in  several  instances  the  slip  rolled 
completely,  over  it,  and  a  fresh  heap  had  to  be  formed  at  a 
greater  distance  from  the  line.  As  the  circumstances  were  ex- 
ceptional, any  details  as  to  cost  would  be  misleading;  but  it  may 
be  stated  that  1  ton  of  coal  was  sufficient  to  burn  about  10  cu. 
yd.  of  ballast. 

2nd.  Trenches  were  cut  through  the  slips  at  right  angles  to  the 
direction  in  which  the  ground  was  moving;  the  width  of  these 
trenches  varied  from  2  to  9  ft.,  and  having  been  carried  18  in. 
or  '2  ft.  into  the  solid  ground  below  the  line  of  the  slip,  they 
were  filled  with  stones,  the  whole  of  the  timbering  necessary,  for 
their  excavation  being,  generally ,  speaking,  left  in.  This  is  ob- 
viously a  costly  process,  and  was  only  adapted  in  extreme  cases, 
where  the  slips  were  delaying  the  opening  of  the  line.  In 
excavating  the  trenches  it  was  noticed  that  but  little  water  was 
tapped  at  a  lower  level  than  3  or  4  ft.  below  the  surface.  That 
they  must  be  regarded  as  counterforts  to  strengthen  the   slips 
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more  than  as  means  of  drainage  was  shown  by  the  fact  that 
several  weeks  after  their  construction  the  surface  of  the  bank 
3  ft.  away  from  the  trench  was  in  a  soft,  boggy  condition.  Re- 
garding them,  then,  simply  as  counterforts  intended  to  strengthen' 
a  moving  mass  of  weak  material,  it  was  thought  that  to  carry 
them  completely  through  that  mass  would  defeat  the  purpose  for 
which  they  were  formed,  and  allow  the  slip,  or  succession  of  slips, 
to  continue  their  course  between  the  walls.  It  was  found  that 
carrying  them  about  two-thirds  of  the  way  through  the  slip  ef- 
fectually checked  its  progress,  arid  it  seems  probable  that  a  less 
distance  than  this  would  have  sufficed. 

In  all  cases,  where  the '  trenches  extended  to  the  back  of  the 
slip,  there  was  no  great  quantity  of  water.  The  cause  of  the 
majority  of  the  failures  appeared  to  be  the  inability  of  the  ma- 
terial to  support  its  own  weight,  consequent  on  the  quantity  of 
water  with  which  it  was  charged;  that  this  water  is  held  in  sus- 
pension for  a  great  length  of  time  appears  probable,  and  the  fact 
that  the  heaps  of  ballast  over  which  ■  the  slip  had  rolled  were 
found,  when  opened  out,  to  be  in  a  dry  and  dusty  state,  shows 
that  the  plastic  nature  of  the  clay  prevents  gravitation,  and  the 
process  of  evaporation  in  a  deep  bank  must  be  slow.  More  than 
once  where  the  base  of  the  slip  was  on  the  same  level  as,  and 
extended  to  the  bottom  of,  the  ordinary '  open  side  ditch,  a  pipe- 
drain  filled  with  rubble  was  substituted  with  advantage. 

Improving  Sliding  Material  by  Burning.  William  George 
Laws  describes,  in  paper  1810  in  the  Proc.  Inst.  C.  E.,  a  method 
of  combatting  slides  on  the  North  Eastern  Ry.,  England;-  The 
line  rons  through  the  alluvial  clay  on  the  north  bank  of  the  river 


^^5!^^^^, 


Section  of  Orlcll-llcMs. 


Fig.  54.     Section  of  Bank  in  Brick  Fields.  ' 

Tyne.  This  is  a  tenacious  fiaky  brown  clay;  the  flakes,  which 
vary  from  1^  in.  to  1  in.  in  thickness,  being  separated  by  films 
of  fine  sand,  and  holding  water  obstinately.  The  upper  and 
lighter-colored  bed  varies  from  6  to  12  ft.  in  thickness,  and  be- 
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low  this  lies  a  bluer-colored,  more  :  unetuous  clay,  similar  ia  its 
flakes  arid  partings  to  the  browner  clay  above. 

The  lower'  bed  is  extensively  -worked  for  ,, brick  making.  In 
the  brick  fields,  where  no  attempts  to  hold  up  the;  banks  is  made,' 
the  nature  of  the  slipping  is  clearly  shown.  The  banlss  break-as 
in  Fig.  54,  slopes  of  10  or  12  to  1  heing  reached  wiihout  the  ma- 
terial coming  to  rest.    .;  ;  :      • 

Eig.'  55  shows  how  thfe  clay  ;slid  into  the  railway  cuts,  and  the 
Hlethod  adopted  for' burning  it. '       ';     ,  '*        :      •    : 

On  a  decided  ,  slip  J  occurring  the  first  thing  done  was  to  dear; 
away  a  space  of  15  to  20  ft,'  in  the  line  of.  the  cutting,'  until  the 
solidifilay  was  reached;  both  downwards  and  sideways.    A  good 


Fig.  55.     Line  of  Slip  in  Cut  and  Method. of  Burning  Clay*    : 

fire  was  then  lighted  on  the  solid  ground,  usiflg  J)lenty  of  broken 
wood  and  coal,  and  allowed  to  burn  up  well;  on  to  this  the  clay 
was  cast  from  both  sides,  in  layers  varying  from  12  to-^30"in., 
small  coal  being  spread  between,  until  the  heap  was"  .from  8  to  12 
ft.  high.  This  was  allowed  to  burn  out, on  the  one  side  and  con- 
tinually extended  on  the  other,,  as  in  firing  a  clamp  of  bricks. 
The  burnt  material  from  the  cool  side  was  then  cast  tiack  as  soon 
as  possible  into  the  void  iiy  the  slope,  land  trimmed  to  shape. 

The  plan-adCTpfed  was  generally  successful^  though  in  some  of 
thfe  earlier  cases,  from  sufficient  care  not  having  been  taken  to 
get  well  down  to  the  solid  clay;  slips,  occurred  for  a  second  time, 
when .  the  process  had  to  be  repeated  ^o  a  greater  depth.  It  was 
found  that  a,  bed  of  heavy  slag  and  hard  stones,^  roiighly  laid  on 
the  solid  ground  as  a  bed  for  the  fire,  very  much  helped  the 
process  by  giving  a  free  draught.  The  general  form  and  position 
of  the  heaps  is  shovm  in  Fig.  55.  The  material  when  burnt  oci 
cupied.  by  estimation  from  20  to  25%  more  room  than  before,  Jeav- 
ing  a  considerable' surplus  of  burnt.stuflF  to  go  to  bank.'    .  .      ■'  . 
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The  Drplnagre  of  a  German  Railway  Embankment.  Engineer- 
mg  News,  May  10,  1890,  gives  the  following:  The  Westerwald 
railway  has  to  pass  over  several  large  clay  beds.  At  one  point 
a  large  embankment  started  to  settle  unevenly,  sinking  in  one 
place  and  rising  in  another.  Attempts  were  made  to  widen  the 
embankment  and  counter  weight  the  section  that  had  a  tendency 
to  rise.  These  operations,  being  unsuceessful  an  elaborate  scheme 
of  drainage  was  resorted  to, 

A  large  culvert,  was  put  ilnder  the  embankment  in  a  tunnel, 
and  was  located  very  low  (see  e  f  in  Figs.  56  and  57).  The  width 
within  at  the, bottom  was,  4.1  ft.,  at  the  top  2.3  ft.,  the  height 
was '5.58  ft.  It  was  planned  so  as  to  tap  the  greatest  possible 
number  of  subterranean  streams  and  a,l80  to  carry  oflf  the  water 
in.  the. Neighborhood  of  the  broken  drain,.  The  culverts,  "which 
were  filled  with  broken  stone,  served,  also  to  drain  the  "subsoil 


Fig.  56.     Section,  of  Sliding  Embankment.        _        .^_ 

on  which  the  structure  rested.  In  this,  they  are  aided  by  a 
ditch  g  h,  with  a  broad  and  deep  section,. the  bottom  being  below 
the  upper  surface  of  the  clay  bed.  All  water  falling  above  the 
embankments  will  be  collected  in  the  ditch  and  lead  to  the  mouth 
/  of  the  main  drain.  Fyom  there  it  passes  through-  a  1.5  ft.  iron 
pipe  laid  in  the  culvert^,,,  .,,.v 

The  nature  of  the  case  mtideft  necessary  that  the  side  drains 
should  penetrate  the  mass  of  the  embankment  as  well  as  the  sur- 
faces of  motion.  The  main  ,  condiiit,  ..however,  it  was  nfice^gary 
to  protect  from  all  chances  of  failure;  hence  its  deep  position. 
The  side-channels  were  inclined  as  shown  in  Fig.  57. 

The  drains  could  have  been  dug  without  wooden  linings,  but 
the  clay  of  the  bed  in  which  the  side  drains  terminated  became  ,so 
soft  on  expbsure  to  the  air  that' it  was  necessary  to  put  in,  a 
heavy  wooden  casing  throughout  the  entire  system^  After  tlte 
main  conduit  was  built  and  the  side  culverts  were  being .  dug, 
the  pressure  of  the  moist  clay,  watf  great,  enough  to  several  times 
break  the  ■woodworlc.  It  sometimes  became  necessary  ito.:widen  the 
drains  also  on  account  of  the>  diminution  of  the  section  due  to 
the  same  cause,  even  if  the  lining  was  still  intact,  though, bent. 
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The  side  drains  were  driven  as  far  as  the  grotind  remained 
damp.  Then  they  were  filled  with  broken  stone.  The  final  step, 
was  to  lay  the  iron  pipe  before  mentioned  in  the  principal  cul- 
vert, and  to  complete  the  filling  of  the  entire  culvert  with  stones. 
The  method  of  joining  the  pipes  is  of   interest.     Each   section 
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Fig.  57.    Plan  and  Sections  of  Culvert  Used  on  Westerwald  Ry. 


was  about  13.5  ft.  long.  These  had  to  be  connected  in  such,  a 
manner  that  any  motion  of  the  drain  would  not  destroy  the 
conductivity  of  the  line.  This  was  accomplished  as  shown  in 
Fig.  58.  Two  pipes  are  connected  to  each  other  by  ties 
running  their  entire  length;  then  these  pairs  are  joined  in  the 
same  way.  The  way  in  which  the  ties  and  the  pipes  are  con- 
necteid  is  shown  in  Fig.  58.    The  rods  are  bent  at  one  end,  laid 
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against  the  pipe,  and  a  ring  slipped  over  the  ends.  The  other 
extremities  pass  through  a  flange  of  angle  iron  fixed  on  the  sec- 
ond pipe,  where  they  are  held  in  position  by  nuts.  Two  ties  are 
used  for  each  pair  of  pipes  and  they  are  placed  at  right  angles  on 
the  successive  pairs. 

Since  the  completion  of  the  work,  all  motion  of  the  embankment 
has  stopped. 


U— ■....— yi—.—...^. ' 


Fig.  58.     Method  of  Connecting  Culvert  Pipes. 
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costs    .''905 

comparative  costs,  wheel 
scrapers,  elevating  graders, 
dragline  excavators  and 
steam    shovels    on    Colbert 

Shoals  Canal looi 
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Canal  Excavation 

cutting    1    to    1    slopes    with 

dipper  driedge 956 

dipper  dredges ' ,  .  696,  697,  699,  959 
dipper  dredges,   10-yd.  capa- 
city Cape  Cod  Canal 699 

15-yd.     capacity,     Panama 

Canal ;   ; 702 

.dragline   machines   used   for 

,  .  .  632,  648,  650,  987,  997 

draglines,    electrically    oper- 
ated      659 

on      side      hill      irrigation 

canals 651 

dredge     and     dragline     ma- 
chines,   cost   with 953 

dredging     : 694,  700 

elevating   graders    and    fres- 

noa,  cost  with ,    945 

floating  dredges,  use  of   .  .  .     954 

four  wheel  scrapers    317 

fresno  scrapers 269,  938 

fresno  and  wheel  scrapers   .     940 

hand  work 908 

-    hydraulic  dredge 735.  738 

hydrauliekirig    1050 

inclines  and  steam  shovels   .     981 

ladder  dredge 711,  714,  955 

natural  erosion  for 963 

power  scraper , 627 

scraper     boat     for     sloping 

canal  hanks  , 981 

sluicing    963 

steam  and  electric  draglines 
steam     shovel,      method     of 

using 

work  with 493,  499, 

suction  dredge ,.  . , 

tower  dragline  excavator 
wagons     loaded    through 

trap   , 

wheel  scrapers    282,  944 

various    methods    on    N.    Y. 

Barge  Canal 991 

Canal,   irrigation,  loss  of  water 

in    ..( 906 

■  maintenance-    974 

elimination  of  weeds   ......     9^8 

hydraulicking  silt    978 

slope  trimmer  for    907 

Canals,    navigable 980 

Capacity,  belt  conveyors 604 

wheelbarrows    .."....; ,     169 

Capstan  plows 909 

horse  operated ,.     927 

operated  from  barges   .....     931 

PQWer  operated 929 

Car  side  wagon  loaders 192 

track  throwing 339 

unloaders 372 

Carriers  on  cableways ,    578 

Carrying  capacity  of  water   .  .  . 

1005,  1006,  1007,  1008 

Cars,  see  chap,  10 335 

cable    haulage    of,    on    curved 

track    371 

capacity  o^    •     375 


662 


396 
513,  994 


202 


Cars 
central   control,    electric   haul--' 

age  for 366 

cost  of  handling  earth  in  flat 

and  dump  cars  , 381 

cost,  of  hauling  with   gasoline 

mine  motors , 363 

dam  construction  by  cars  and 

hydraulicking     1236,  1238 

dumping  sticky  material  from  382 

dumping  with  derricks 382 

filling       Tow       ground       with 

dredged  material    355 

flat  and  dump  car  costs  com- 
pared on  embankment   .  .  .  1138 

horse  drawn   345,  346,  356 

hauled  by  cables    368 

by  electric  locomotives 364 

by  motor  truck  348 

haulage    system    for,    in    shale 

pit 369 

light  railway  on  highway  work 

358,   359,   360 

loaded  through  trap  by  du^tp 

wagons    ,.......'.  240 

moved  by  hand 344 

mule  and  electric  haulage  .  . .  364 

non-dumping '. 335 

preventing  freezing  on 434 

recommendations    for    use    on 

steam  shovel  work 376 

repair  costs,  Panama  Canal   .  413 

rocker  double  side  dump  ....  338 

rotary  dumping .  335 

side  dump 337 

static  dumping ,335 

tractive  resistance  of 342 

types    of r  •  335 

use  of 341 

unloading  by  sluicing    384 

in  small  gpace   . 382 

on  Panama  Canal ,.  374 

wheel  scrapers  compared  with  347 
Carson  trenching  machine   .  .  810,  830 

Carts 175 

capacity 228 

compared  to  wheelbarrows    .  .  170 

cost  with 177,  228 

grading  railway  ....  .177,  178,  1144 

.high  cost  with 178 

rule  for  cost  with    176 

table  of  post;  with    229 

Caterpillar  land  leveler 329 

tractor 218 

traction  for  dragline  excavator  633 

wheels    '. 220 

Catlinite,  definition  of    2 

Cellar    excavation,    see    founda- 
tion excavation  -    . 

Center  dump  wagon 182 

Central-control    electric    haulage  366 

Cess  Pool,  cost  of  digging   ....  109 
Channel      Clearing,       changing 
channel  of  a  creek  in  hard 

pan    171 

dredging    silt     with    ladder 

dredge   705 
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Chicago  Drainage  Canal 981 

Chisel      excavator  '   for     irozen 

ground    , 146 

Chutes  used  on  ladder  dredge  .  .  710 

Clam  shell  buckets 570 

trenching  With   571,  783 

dredge  with  195-ft  boom   ...  678 

dredging    681,  683,  721 

Clamp    for   pulling   sheet   piling  852 

rail  for  steam  shovel  424 

Classification    25 

Am.  R}'.  Eng.  .and  Maint.  Way 

specifications'  for 37 

according  to  difficulty  of  pick- 
ing   .  27 

common  excavation   .  .  .  .'.  .  '.  .26,  27 

excavation  under  water    ....  27 

loose  rock    27 

overhaul 27 

specifications  for 26,  29 

solid .  rock   26 

Clay    i... 2 

breaking  up  for  a  dredge   .  ,  .  752 

burniiig  to  prevent  slipping   .  1323 
casting        behind        retaining 

wall 115 

cost  of  cesspool  in   109 

.difficulty     of     dredging     with 

ladder  dredge 709 

dredging  with  clam  shell   ....  683 
excavated  by  revolving  shovel 

in  brick  yard   516 

foundation  excavation  in    .118,  258 
handled   in   carts    on    railway 

work  ■....;.. 177 

with     elevating     grader     on 

railway  ■  wbrk   241 

with  wheel  scrapers -in  rail- 
way cut  ...;..; 305 

hand   excavated   for  retaining 

wall     116 

loosening  and  shoveling 107 

shrinkage  of    13,  14 

sluicing,'    grades    required    for  1008 

steam  shovel  work  in 

366,  451,  ^6,  457 

test  pits  in ' 83 

thawing  with  steam  jets   ....  143 
wash   borings    in,    on    Stanley 

Lake  dam   52 

wciijht  of 4 

Cleaning  filter  plant  with  wheel- 
barrows and  carts   ....  170,  171 
Clearing     and     Grrubbing,      see 

chap.  4    85 

cost  estimating'  : 86 

effect  of   method  of   excava- 
tion on  cost 88 

on  cost  of  earthwork  ....  39 

factors  affecting  cost  of   .  .  .  85 

methods    91 

roadwork,    cost    of    clearing 

on    1091 

Climate,  effect  on  cost  of  earth- 
work     V  .  .  .  ; 38 

Coasting  cableways 583 

Cofferdam,  filled  by  pumping.  .  1215 


Combination  cableway  and  der- 
rick        586 

Common  excavation 26,  27 

Am.    Ey.    En^.    and    Maint. 
Way  Asso.  classification  .  ,      37 
Goihpacting  embankments,  effect 

on  cost  of  earthwork  ....      40 
Comparison   of  steam   and  elec- 
tric shovel  costs 543 

Compression  of  marsh  soil   ....  1097 

Conduit  Trenches    773 

Conveyor,  see  chap.   13    575 

Bates  belt  conveyor  on  Chicago' 

canal 985 

bejt , ; .     603 

capacity    604 

life  of .604,  708 

for  backfilling  trenches   . .  .  :  .    800 

dam  built  with   608 

long  belt  used  at  a  quarry  . .     607 

used  on  Lahontan  Dam 611 

Gore     wall,     requirements     for 

earth  dam 1149 

Cost    of   earthwork,    factors    af- 
fecting       37 

Cost  keeping,   method  of,   show- 
ing   unit    cost    for    each 

scraper  gang    310 

Counterforts  of  rammed  earth . .  1309 
Creek    change,     handling    hard 

pan  with  wheel  barrows  .    171 
Cross      firing      with      elevating 

grader  for  highway 234 

Culverts,   cost  of  excavating  on 

a  canal  project    947 

Curb  and  pavement,  excavation 

for 115 

Curved   trenches,    use   of  steam 

shovel  on    805 

Cuts,   see'  grading 

Cutting  down  railway  grades  . .     391 

D 

Dam.  see  chap.  20 1147 

belt     conveyor     on     Lahontan 

dam   611 

boulder     filled     wire     baskets 

used  for    .  .■ 1208 

Calaveras,  slide  on 1244 

cinder  built  dam  in  Pa 1159 

Cold  Sjirings  dam,  Ore 1197 

compacted  by  irrigation  flood- 
ing   1172 

constructed   by    cars    and   hy- 

draulioking    1236,  1238 

conveyors     handling     material 

on    608 

earth  embankment  with  gravel 

facing    1213 

electric  shovel  on 545 

elevating  grader  work  on   ...     236 
goats  used  for  compacting  .  . .  1170 

HiU  View  Reservoir  . 1206 

hydraulic  construction  of    .  . . 

1058,  1059.  1060, 

1066,  1070,  1221,  1227,  1249,  1241 
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Dam 

Kachess  lake  dam   1202 

Lahonlan     1156 

Poi'to   Rico   irrigation    service  1157 
rolling   cost  at   Belle   Pourche    487 

San  '  Leandro    1152 

scrapers    and   hydraulic    exca- 
vation used  on   1059 

slides  on   .  . .  .  : 1243 

shrinkage  of 14,  1164 

small  dams  for  stock  watering 

reservoirs    1163 

spreading  and  rolling  cost  on    158 
stram  shovel  work  on  485,  501,  1191 

Tabeand    Dam    1165 

temporary  hydraulic  fill  across 

Colorado  River 1210 

wagons    loaded    through    trap 

by  fresno  scrapers   204 

watering       costs       at       Belle 

Pourche     487 

Dams,  accidents  to 1243 

at  Ashokan  reservoir 1154 

hydraulic  fill,  design  of 1220 

Miami  Valley  Plood  Protection  1157 
percolation   factor,    determina- 
tion  of    1163 

permeability    of    concrete    and 

puddle  core  Walls 1151 

Definitions 1-4 

terms   employed   in  earthwork 

19,  20,  21,  22 

Denny  Hill  Regrade,  Seattle  .  .  .  1081 
Depth  of  cut,   effect  on  cost  of 

earthwork 39 

of  frost .        7 

necessary  in  drainage  ditches    976 
suction  dredge  can  reach  ....     721 
Derrick,    car   bodies   used  with, 

on    foundation ,  excavation    559 

dumping'  wagons    '   195 

excavator,    portable 620 

orange  peel  bucket  used  with 

on  trench' 787 

sling      for      handling     wagon 

bodies  with , .     184 

shovel  mounted  on  boom  of  .  .     554 

trenching  with    779,  780 

trolley  cableway . .  .  ^ ^^^ 

Derricks  and  locomotive  cranes 

for  trenching 778 

Diamond   drills    82 

point  scoop 106 

Dikes,   see  also  levees,  chap.  21  1247 
design  of  for  salt  marsh  recla- 
mation   1248 

scraper  work  on 257 

wagon  work  on 199 

DinkeySj  see  also  locomotive 

capacity  of    353 

hauling  with 349 

Dipper  dredge,   see  also  dredge    686 
cutting  1  to  1  slopes  with  .  .     956 

work  with    688,  698.  699,  702 

steam    shovel,  '  of    manganese 

steel   ^21 

trips,  designs  of 421 


Dippers,  steam  shovel 420 

Dirt  bucker  for  making  fills  over 

marshy  ground 259 

Disposal   of   material,    effect   on 

cost  of  excavation 40 

Ditch     blasting,     dynamite     re- 
quired     137 

construction  in  Alaska 1017 

excavation,   clam   shell  bucket 

used  for    949 

dragline    950 

floating   dredge,    use   of ... .  954 

natural  erosion    ;  . .  .  962 

suitability  of  scrapers  for  .  .  251 

maintenance    974 

Ditcher,    Junkin    917 

Stockton     914 

Straddle 920 

Twentieth  Century 321 

Ditches  and  Canals,  see  chap.  17  903 
Depth  necessary  for  adequate 

drainage 976 

dressing  the  sides  of 906 

gopher 973 

grades  required  for  self  clear- 
ing      975 

highway    .  i 972 

railroad 965 

types  of 903 

Ditching,    see    also    canal    exca- 
vation 
American     Railway     Ditcher, 

cost  with 966 

Buckeye  ditcher  in  the  Ever- 
glades      913 

cable  operated  plows  used  for  927 
cable     plows     operated     from 

barges    931 

car,   with  plows  and   scrapers  970 

double  ditcher  train  used  for  515 

dragline  costs  on .  654,  655 

drag  serajier  costs  on   938 

dynamite  used  for  in  wet  ma- 
terial      131,132 

electric  dragline  cost  with  ...  951 
electrically    operated     railwliy 

ditcher     969 

elevating  graders  used  for  .  .  .  947 

explosives  used  for    933,  934 

explosives  used  in  quick  sand 

and  clay 937 

machine,  Austin 915 

method    of    connecting    wires 

for  blasting    135 

scrapers  used  for 937 

spade     105 

special  machines  for 909 

special  plows  for 927 

steam    and    electric    draglines 

on    663 

wheel  excavator,  costs  on   .  .  .  910 

Double  ditcher  train 515 

levee  ditches   903 

Double  trees    306,  307 

Dragline,  see  chap.  14 615 

buckets    , 643 

buckets  operated  from  a  scow  639 
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Dragline 
bridge    foundation     excavated 

with 654 

cableway  excavator 588 

work  with    602,  603 

canal  excavation  with 

632,  648,  650.  659 

on  side  hill 651 

difficulty,  of  making  a  road  for  , 
machine  on  irrigation  work    651 

ditching   654,  655,  950 

electric     •     657 

power  consumption  of    ....     660 
eliminates    haulage   equipment 

on  railway  embankment  .  .  1115 

grading  railway  with 1115 

gravel  handling  under  water  .     647 

levee  construction  with 1253 

locomotive  crane  used  for   .  .  .     638 
planking    for   work   over   soft 

ground     645 

portable  derrick  excavator   .  .  .     620 
power    consumption    on    canal 

work    666 

steam    and    electric    machines 

on  ditch  work 663 

on  N.  Y.  Barge  canal  .  .  .     662 

stripping  cost  with 666 

trenching,  with    .  . 647,  778,  786 

in    quicksand     .  -. 877 

walking  attachment  for 634 

machines  on  levee  work  in 

Texas     1254 

Drag  Scrapers 254 

compared   to    wheel    scraper 

on  small  levee 295 

ditching  with  .' 938 

foundation    excavation    with    258 

grading  railway 256,  259 

trap  for  loading  wagons  with    199 

Drainage  ditches  * . 903 

Drain  spade .^ 105 

Dredge,  chap.  15,  see  also  Clam- 
shell, dipper,'  hydraulic, 
and  ladder  dredge  ...  . ,.  . .     669 

blasting  a  pit  for 701 

clam    shell    type    with    195-ft. 

boom    , 678 

cutter  heads  for 675 

depth  ,  at     which      hydraulic 

dredge  can  work 721 

dipper,     cost    of    1^-yd-    ma- 
chine      688 

cost  of  214-yd.  machine  ....     696 

work  adapted  to    .......  688,  671 

erection     costs     knock     down 

steel  dredge  -. 690 

grab  bucket  type,  a,dvantage  of    673 

gravity  swing  boom  on 678 

hydraulic,  cost  of  30-inch  ma- 
chine        747 

pipe  line  for 720,  741 

sea-going  hopper  dredge  .  .  .     731 

types  of   718 

knock  down  steel  dredge,  erec- 
tion costs 690 

ladder,  wear  of  parts  in  sand    698 


Dredge  ■ 
Liverpool  type,  se.a-going  hop- 
per dredges 726 

plant    used    with    for    filling 

park  land,   Chicago 747 

spuds,  vertical  and  bank  spuds 

compared     672 

storage  drum  for  cable,  on   . ,  681 

suction,  on  irrigation  canal  ,  .  666 
Dredged    material,    increase,    in 

volume  of 17 

Dredges,  capacities  of 669 

classification    of    669 

construction  cost  per  ton   ...  669 

cost,  life,  repairs 753 

dipper    686 

drag    type,    sea-going    hopper 

dredge 727 

hydraulic     ,  718 

adapted  to  filling  low  lai^d  .  675 

ladder    704 

land 919 

power    076 

relative     values     of     different 

type.s    671 

smoke  stacks  of    676 

Dredging,'  American   and  Euro- 
pean practice  compared  .  .  677 
aligning   a   dredge   in   a  canal  690 

breaking  u])  clay  for 752 

canal  excavation  by 

694/696,  699.  7(10,  959 

clam  shell  dredges  used  for  681,  683 
clam      shell      and      hydraulic 
dredges    compared  in,  Mo- 
bile Harbor    ' .  .  .  .  721 

difficulties  with  ladder  dredge 

on  irrigation  canal  ......  714 

dipi)er  dredge  on  river  work, 

Pla 698 

disposal  of  material  with  belt 

conveyor 709 

dragline  bucket  iised  on  cable- 
way   602 

embankment    built   with    lad- 
der 'dredge 711 

floating  plant  used  in   dredg- 
ing operations   ,...747,  753,  759 

frozen  ground 146 

gold,  bibliography  on 718 

GoTernmeut  compared  to  con- 
tract work    677 

high  cost  at  Havana,   Cuba..  708 

hydraulic     720,  721,  734,  735 

cost  with  12-in,  dredge   ....  736 

cost  with  20-in.  dredge   ....  737 

cost  with  26-in.  dredge  '.  .  .  .  738 

cost  wilh  30-in.  dredge    ....  740 

jet  used  to  level  spoil  banks  695 
percentage    of    solid    matter 

721,  734 

ladder    dredge    on    irrigation 

canal    714 

in  silt 705 

material    for    levee    construc- 
tion     1262,    1265,  1267 

ocean  bars    685 
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Dredging 
orange  peel  buckets  used  for 

682,  685 

seraiier  for  lowering  crest  of 

sand  bars   752 

sea   going   hopper   dredges,    in 

Ambrose  Channel 726 

steam  sliovel  mounted  on  hull 

for   693,  694 

sweeping     and     cleaning     up 

channel   753 

tough  clay 147 

wear  of  parts  of  ladder  dredge 

in  sand 698 

world's  record  at  Culebra   .  . .     704 

Dred^ewiiy,  blasting  a 130 

Pressing    and    surfacing    earth- 
work   .  .  ., 153 

Drifting  scraper  and  tractor   .  .     329 
Dry       foundation       excavation, 

specifications  for .      34 

Dump   boxes    182 

Dump    cars    compared    to    flat 

cars 381 

Dumping     table,      for      loading 

wagons  with  bucket 560 

Dumping  wagons  with  derrick  .     195 
Dump  track,  swinging  platform 

for   380 

Dunbar  dragline  bucket 645 

Duplex  cableway 575 

Dynamite,    amount   for  blasting 

stumps     ." 91 

required  for  ditch  blasting   .  .     137 
Dynamometer  test  on  plows  .  .  .     123 


Economy   of   fresno    and    wheel 

scrapers  compared 304 

of  wagon  train   haulage  with 

motor  trucks 210 

Ejector     used     to     force     sand 

through  a  pipe 1014 

Electric  draglines    657 

ditching    951 

power  consumption  of    ....  952 

haulage,  centrally  controlled. .  366 

locomotives,  hauling  cost  with  364 

shovel,    see   also   steam    shovel 

compared  to  steam  shovel  .  .,  543 

power  consumption  of 545 

work  with    

..541,  543,  544,  546,  547,  549,  552 
Electrically      operated      railway 

ditcher,  cost  with 696 

Elevating  grader,  see  chap.  8  .  .  230 

dam  built  with   ,,.236,  117,%  1191 

ditching    947 

grading, railway  in  stiff, clay  241 
hauled  by  traction  engine  231,  243 
loading  wagons   for  railway 

embankment    205 

special  type  of,  witli  multiple 

plows   244 


Elevating  Grader 

stripping  coal' 239 

gravel  pit    .- ;     237 

widening  wheels  of,  for  work 

in   soft  material    234 

Embankment    across    lake    built 

from  scow  trestle 1121 

across      swamp     with      wheel' 

scrapers     284 

built  on  ice 1120 

dragline  excavators  used  on   .  1116 
flat  and  dump  car  costs  com- 
pared on .  1138 

high  trestle  replaced  by  earth 

embankmeiit 1139 

highway  built   by   sluicing...  1055 
hydraulic    dredging    to    build 

embankment    734,  1116 

hydraulic    dredge    used    with 

sheerboards     1117 

ladder    dredge    and    conveyor 

building  embankment  ....     711 
Lloyd  unloading  machine  for 

use  on .' 378 

movable  trestles  for  building  .  1105 
railway,    building    with  steam  * 

shovel  and  oars    481 

cost  of  raising 1136 

repairs  to 1320 

shrinkage  of    12 

sliding   prevented   by   drain- 
ing   1325 

repairing  canal  bank  by  sluic- 
ing   1057 

reservoir,  shrinkage  of 16 

rolled,  shrinkage  of 17 

shrinkage   9,  11,  16 

settling  basin,  cost  of    1181 

spreading         with         Jordan 

spreader    385 

subsidence  calculations  on  .  .  .  1088 
suspension     dumping     trestle 

for    1100,  1113 

swinging  platform  dump  track 

for  use   on   embankment. .    380 

trestles 1102 

wire  rope  trestles 1106 

Yale  Bowl 1217 

Embankments,    consolidation    of  1318 

over  marshy  ground 1092 

railway    1098 

subsidence  investigations  on 

, ...:... 1099,    1101 

sheerboard   method   of   retain- 

.ing  wet  earth 1056 

widening  by  various  means  .  .  1123 

Empire  drill,  cost  with 71,  76 

Eveners,  three  horse 307 

Excavation,  classification  of    .  .25,  27 
Explosives,    see   also  blasting 
amount  required   for   military 

mines    126 

ditching  with    933 

loosening  ground  with 126 

used  to  stop  slide 1305 

used     to    throw     material    in 

grading 1145 
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Factors  affecting  cost  of  earth- 
work   . .,. 37 

in  clearing  and  grubbing  cost      85 
Fairbanks  walking  dredge   ....     921 

Field  tower  scraper 987 

Filling    behind    bulkheads    with 

hydraulic  dredge 733 

low  ground,  cars  used  to  han- 
dle  dredged  material    .  .     355 
hydraulic  dredging  733,  734,  740 

■vpith  wheel  scrapers 284 

and  tamping  viaduct  embank- 
ment     , 1129 

Filter  plant  cleaning  with  wheel- 
barrows       170 

Flat, cars  compared  with  dump 

'  cars   381 

Flexible  rail  joint 426 

Floating  plant  used  with  dredge 

747,  753,  759 

Floating  pipe  line   ....,, 720 

Flooding   with    check    levees    to 

/      consolidate  dam   1172 

Flume 1009 

cost  of 1077 

life  of  iron   plates   and   wood 

blocks  in 1077 

lined  with  old  steel  saw  blades  1023 
movable  on  hydiraulic  fill  dam  1022 
paving  blocks  to  prevent  wear 

in  wood  stave  pipe 1081 

simple  timber  flume 1019 

sluicing  with,   on  Bear  Creek 

dam 1229 

Flumes,  series  of  tangents  better 

than  curves 1064 

Fogarty  excavating  bucket   ....     570 
Formula,    cost   of   steam    shovel 

work    ■  405 

for  transportation    226 

Foundation,  cost ,  of  prospecting 

with  cable  drills 82 

Foundation      excavation,       con- 
veyor belt  and  scrapers  .  .     604 
derrick  and  car  bodies  ....     559 

used  with  skips    .'.  .' 558 

used  with  trunnion  buckets    560 
disposal  of  material  through 

chute 1080 

dragline  on  bridge  work  .  .  .  654 
drag  scrapers  in  stiff  clay  .  .  258 
handling       material       with 

trucks    209,  539 

hand  work 220 

orange  peel  bucket  used  on    567 

power  scraper 631 

revolving  shovel  and  wagoi^ 

.  .  .  : 519,,  520,   526 

shoveling  cost  in  clay  .  .  .116,  118 

Thew  steam  shovel  on 521 

wagon. work'  on   198 

wheelbarrow  work  on 116 

wheel  scrapers  worked  under 
bonus  system    308 


Four  wheeled  scrapers   312 

loaded  by  cable 629 

work  with .317,  318,  319 

Freezing  quicksand 869 

weather,   effect  oh  swamp   ex- 
cavation         119 

Fresno  scraper 269 

canal  excavation  with  .  .  .269,  938 
curves  showing  cost  with  .  .    303 

grading  railway    264,  267 

loading    wagons    through    a 

trap 202,  204 

wheels  applied  to 273 

wheel     scraper     costs     com- 
pared to   300,  940 

Frost  penetration  .  . . ., 6,  7 

Frozen    ground,    breaking    witli 

chisel 146 

breaking   with   gopher  holes    149 
breaking      with      horizontal 

holes  under  crust 148 

cost  of  trimming  and  dress- 
ing          155 

device  for  thawing  for  pole 

holes    140 

digging  pole  holes  iri 139 

dredging 146 

grading       highway,       wheel 

scf apers  in  winter 291 

grading  railway  in  freezing 

weather   207 

steam  thawing  of 147 

thavfihg  gravel 141,  143,  145 

thawing  with  lime 141 

thawing  with  steam  pipes  .  .    140 

treatment  of 139-150 

trenching  machine  in    828 

undercutting    139 

wheel  scraper  work  in   ... .     289 
material,  backiiHing  with  ....     887 
preventing  freezing  on  dump 

car'  bottoms ■  434 

Fuel    and    water    consumption, 

locomotives    354 


Q 


.  Gang  rooter  plow    121 

Gasoline    mine    motors,    hauling 

cost  with 363 

Giant  and  infline   1013 

Giants  hydraulic   1004 

Glacial  soil,  definition  of 2 

Goats     compacting     puddle     on 

dam 1170 

Gold   dredging,   bibliography   on    764 

Gopher  ditches 903,  973 

Gopher      holes,      for      breaking 
, ,  ,         frozen  ■  ground    ...........     149 

(government   dreadging,    bibliog- 
raphy on 764 

vs.  contract  dredging 677 

Grab  buckets  on  cableway   ....     599 
Grades,   required   for   self-clean- 
ing ditches    975 

Graders,  rbad 320 
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322 
294 


199 
291 


322 


Grading  across  slough  with  push 

soraper    260 

athletic  field  by  hand  labor  . .    162 
Girading  highway,  Bagley  power 

scraper  used  for 617 

cars    and    locomotives    haul- 
ing stone 35S,  359,  360 

cost  by  various  methods  .  .  .  1090 
cross    firing    with    elevating 

grader 234 

elevating  grader  used  for  .  .  235 
equipment  and  methods  .  . .  331 
four  wheel  scrapers  on  .  .318,  319 
hydraulic      excavation      and ' 

fill     , 1055 

loosening  with  explosives  .  .  128 
methods  and  costs  with  road 

graders    , 

proper  cross  section  for  ... 
road     graders     hauled     by  ' 

tractors    ....  .327,  330.  333 

steara  shovel  Work  on  .  .  .  .  I 

525,  533;  534,  538 

wagons  loaded  through  trap 

by  scrapers 

wheel  scraper  work  in  Win- 
ter  

methods    and    cost    on    earth 

road  construction 

railway,  ballast  handling  with 

■  steam  shovel 1132 

•  cars     and     wheel     scrapers 

compared    347 

carts  used  on 177,  178 

drag  scrapers  used  on   — 

...J 256,  259,  1140 

electric  shovel  on  electric  ry.  549 
elevating  gradersv  work  with 

231,   236, 

fresno  scrapers  on 264, 

hand  trimming  cost    

high  steam  shovel  output  on 
horse  drawn  cars  used  on  .  . 
picking   and  shoveling  hard 

pan    

revolving  shovel  on    .537,  544, 

station  work  on    173 

steam    shovel    on    grade    re- 
duction      391,479, 

steam     shovel     on     through 

cuts   , 394, 

steam  shovel  widening  cuts 
steam  shovel  work  on,   .  .  452, 

455,  457,  464,  474,  475,  496.  502,  507 
transporting  men,   tools  and 

supplies  for 1130 

trimming  frozen  ground  .  .  .     155 

wagon  work  on 197,  205,  207 

wheel  scrapers  on 

.281,  284,  286,  288,  297,  305 

widening     cut     with     steam 

shovel    ^89 

river  banks  with  water  jet  .  .  103b 
street   cost   with   Thew    shovd    631 
revolving  shovel  on  .  .  523.  52o, 

Grid  iron  grader 

Ground  sluice    


241 
267 
156 
495 
356 

109 
552 


480 

399 
487 
453, 


r,35 

162 
1001 


Ground    water,    effect    on    cost 

of  excavation 39 

Grouting  quicksand    869 

Grubbing,  cost  per  acre'  in  sage 

brush 164 

see  also  chap.  4   85 

Gravel 2 

dredging  with  dragline  bucket 

'. 639,    647 

•   fascines  '. 1316 

handling    plants,     see    under 

mining 

hydraulic  mining,  cost  of  ....  1025 

method  of  placer  mining  ....  1026 

obtained  by  dredging 694 

power  scraper  excavating  un- 
der water 627 

revolving  electric  shovel  han- 
dling   547 

screen  for  use  with  wagons  . .  192 

thawing  141,  143,  145 

trenching  in   779 

weight  of    4 

Gumbo,  definition  of 2 

H 

Hand  auger  costs   , 72 

excavation,  in  canal, 908 

cost  of    106 

methods  in  trenches  ,..'....  767 

Plard  pan, .  definition  of   2 

cost  of  blasting 127 

cost  of  picking  and  shoveling 

J         hard  ]pan    .-,.., 109 

handled  witl^  wheelbarrows  .  .  171 

shrinkage '  of . .-....,..' 15 

Harrowing,    cost    with    traction 

engine 125 

Haslup  side  scraper 252 

Haul,  definition  of 165 

Hauling,  see  chap.  7  , 165 

,,    capacity  of  dinkeys 353 

comparative  costs  in  fiat  and 

dump   cars 381 

conditions,    effect    on    cost    of 

earthwork   39 

costs   analyzed 221 

dinkeys  used  for 349 

gasoline  -mine  motors  used  for  363 

methods  arid  costs   226 

roadway  for  wagons 189 

snatch  teams,  use  of 188 

table  of  cost  with  carts 229 

table  of  cost  with  wagons   ...  228 

work  of  teams    187 

Hay  knife  excavating  wet  soil  .  908 

Heat  conductivity  of  soils 7 

Heltzel  lightning  loader  skips  .. .  19G 
Highway,    see  grading  highway 

,  ditches 972 

embankments      over      marshy 

ground    1092 

Hints  on  steam  shovel  work  ..  .  466 

on  wheel  scraper  work    277 

Hoisting  jilanes   . ; 505 
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Hoot     connections     for     auger 

rods •  .  .      68 

Hoppers  for  loading  wagons  191,  194 

Horizontal  cableways    576 

crowdiffg  motion  of  small  re- 
volving shovel 523 

Horse  drawn  ears,  cost  with  345,  346 

Hot. water  tha*ing 143,  145 

Hovland  tile  ditcher   841 

Hydraillic  dredge    718 

building  embanlcraents  with  1116 
cost  with  in  Mobile  Harbor  721 
h&hdling  very  soft  material  723 
maximum  depth  reached  by    721 

pipe  line  for 741 

elevators  .1010,  1013,  1014,  1035,  1036 

excavation,  see  chap.  18 1004 

canal  dug  by  .  .  >  '. 10^»0 

carrying  capacity  of  water  .  1005 
core-wall  trench  dng  by  ...  845 
dams  built  by  hydraulicking 

1058, 

1059.  1060,,  1061,   1064,   1006,   1070 
dam  '  constructed  'of     mine 

tailings    1066 

Denny  Hill  regrade,  Seattle  1081 
ditches  and  flumes  for  1009,  1017 
duty  of  miners  inch  .  . .  1013,  1027 

filling  trestles 1051 

flumes  for 

1022,  1023,  1044,  1064,  1077 

gravel  mining  cost    1025 

highway    eifabankment    built 

by    . 1055 

hydraillic  elevatoi"  plant  . .  .  1010 

incline  and, giant 1013 

land  slide  removed  by  .....  104S 

movable  flume  for 1022 

placer  mining 1027 

pressure  boxes  ,.*..: 1015 

pumping  sand  through  spiral 

pipe  line   ....  .'.'".  . 1046 

retaining  hydraulic  fill  with 

,  sheer  boards   1056 

river     banks     graded     with 

water  jet 1036 

sheerboards,       lumber       re- 
quired for 1079 

simple  timber  flume  for  . .  .  1044 
stripping  by  means  of    .... 

.  ...;...";': 1038,  1044,  1047 

sluicing  applie'd   to   a   small 

job 1056 

sluicing  silt  to  reduce  canal 

leakage 1083 

water  requirement  of  giant, 

'  sluice  and  elevator 1013 

working'  'I)lac'er  gravel 1026 

Hydraulic-nil  dams,  design  of  .  .  1220 
retaining  with  hay  and  dirt 

embankments    1054 

Hydraulic  giants   1004 

grading  of  Westover  Terraces  1075 
hopper  dredge  for  Pacific  coast  731 
jet  for  levelling  spoil  banks  .  .     695 

mining,  pipe  lines  for 1016 

range  in  cost  of   1032 


Hydraulic  giants 
stripi)ing  of  gravel  pit    1038 

Hydraulicking,      Abbot      Brook 

dike 1240 

Bear  Creek  dam 1227 

ConcuUy  dam   1221 

Panama  Canal  work  done  by  .  1049 

Somerset  dam,  Vt. 1241 

volume  of  water  required  for  1009 


Importance  of  prospecting   ....      41 
Incline  cableway   580 

tipples       used       with       steam 

shovels     513,  9,S1 

used  with  giant .  1013 

Insley  wagon  loader 195 

Irrigation  ditc.hes    903 

preparing  land  for 164 

Iron     ore     handled     by     steam 

shovel 459,  462 


Jack  blocks,  steam  shovel  .  .427,  459 
Jacobs,  guided  line  rxcavator  ..  636 
Jerk-line  for  handling  teams   .  .     20S 

Jointed,  sounding  rod   42 

.Jordan  spreader,  work  with  .  . .  385 
Junkin  ditcher    917 

K 

Kalamazoo      extensable      trench 

brace 862 

Kaolin,  definition  of 3 

Keystone,  traction  excavator  ,  .  .  555 
Kind  of  earth,  effect  on  cost  of 

excavation     39 

King  ditcher    ; 921 

L 

Ladder  dredge 704 

belt  conveyor  used  with   .709,  711 

filling  trestle    708 

formula  for  power  required  705 

long  chutes  used  on   710 

record  at  Panama  Canal.  . .  714 

wear  of  parts  in  sand .....  698 

Land  dredge ;  .  .  .909,  919 

Monighan      walking      exca- 
vator     924 

Large  revolving  shovels    510 

Laterite 3 

Laundering    device    for    gopher 

holes    149 

Lead  and  haul 165 

Lee  wagon  loader 194 

Legality  of  methods  of  calculat- 
ing earthwork 23,  24 

Length  of  haul,  effect  on  cost  of 

excavation     39 

Levee,  see  also  dike,  chap.  21..  1246 

buck  scraper  work  on 253 
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Levee 
cableway  and  dragline  bucket 

used  on   603,  1257 

drag  and  wheel  scraper  costs 

compared    on    295 

dragline  construction' of  1262,  1254 

enlargement  of   1251 

hydraulic     construction     of,  1262, 

..  .  ■. 1265,  1267 

location   of    1247 

machines  for  building '1255 

sand  core  leTees  in  California  1272 
sections    on     Mississippi     and 

■  Sacramento  Rivers 1249 

swell  of  newly  excavated   ma- 
terial in    10 

Leveler,  rectaiigular   160 

Leveling  farni  land  with  tractors  159 

ground  after  gold  dredging.  .  623 
Life   of   Ijai'ges,    tow   boats    and 

dredges 753 

of  belt  conveyor 604 

of  belt  conveyor  on  dredge.  .  .  708 

of  cable  on  engine  incline ....  372 
of  iron  plates  and  wood  blocks 

in   flume 1077 

of  maiii  cable   .  ■.' ".  586 

of  steel' plates  in  flumes,  1025,  10.31 

Light   railways    on   road    work,  358, 

359,  360 

Lime  for  thawing  frozen  ground  141 

Lloyd  unloading  njaptine ^8 

"Loader,    power    scraper    wagon 

loader 619 

Loaders,  wagon,,  see  chap.  8 .  . .  230 

for  use  with  cars., 192 

Loading  device  for  gopher  holes  149 
hopper  for  use  with  wagons. .  560 
machine  for  surface  or  under- 
ground work    247 

through  trai)s .  283 

trailer,  for  dump  wagons.  .  .  .  245 

Loam,  weight  of 3,  4 

Location,  effect  on  cost  of  earth- 
work   ; 38 

Locomotive,  see  also  dinkey 
capacities      of,    '  on      various 

grades 505 

cranes   used  for  trenching.  .  .  '778 

used  as  dragline  excavator.'  638 

light,  tyi)es"of' :i.  ;...... '352 

Locomotives,    repair   cost  of,    at 

■  Panama 413 

water    and    fuel    consumption 

of     ...:. :....  354 

Loess,  -definition  of  .  .  ; 3 

Long  handled   shovel    ;.......  106 

Loosening  and  shoveling ....  94,  151 

sticky   clay    .,.....:...  ^ ,  .-.  107 

exijiosives   used-  for.  . .  .  .  vl'2o,  127 

methods  of    ^^ 

Loose  rock,  Am  Ky.  Eng.  and 
Maint.  "W.  Asso.  classifica- 
tion     • •  •  37 

in     classification     of     earth- 
work     • 27 

specifici-.tion   of    "* 


M 

Macadam   excavated   by  revolv- 
ing shovel 

Maintenance     of     ditches     and 

canals . 

Management     of     steam     shovel 

work    

Maney    four-wheeled    scraper. . . 
Manganese    steel    steam    shovel 

dippers .,..  ,-, 

Marl,  definition  of 

device-  for  sampling 

gouge     , 

Marsh  soil,  compression  of .  .  .  . 
trenching   in,    with    Parsons 

excavator    

Marshy      ground,      method      of 
building  embankments 

over    

Martin  ditcher  and  grader 

Mattock  corn-pared  wMth  pick.  .  . 
Mattresses  for  supporting  high- 
way     embankment      over 

marsh 

Measurement,    legality    of   meth- 
ods of   22,  23, 

Mechanical  flock  of  goats.' .... 
Methods  and  cost  of  hauling.'. 

of  loosening    

Military   trenches    

Mine    haulage    by    electric    loco- 
motives     

Miners  inch   ....<. 

Mine  tailings  used  in  hydraulic 

fill  dam   

Mining,     cars    used    to    handle 

special  earth  .-. 

coal,  systems  of  haulage.  .363. 
clay,    steam    shovels   in    brick- 
yards  .366,   455,   457,   616, 

iron  ore  with  steam  shovel.  . 
marl,    use   of   cars    hauled   by 

cables    

shale,    tramming   system   u.sed 

.   in   pit 

sand    and    gravel*    with   .steani 

-  shovel.  .-.  .  .  .422,    443,    446, 

thawing     gravel     for      placer 

mining     141,    142, 

Mona-h-an  back-filling  machine .  . 

walking  excavator    

Moore   trenching  machine 

Mosquito-   elimination    by    blast- 


525 

974 

43 1 
312 

421 

,-     3 

46 

105 
1097 


1092 
322 
94 


1093 

24 
1171 
226 

91 
901 

304 
1009 

1060 

344 
364 

523 
439 

371 


ing 


Motor  boat,  cost  of  operating.  . 

Motor  trucks,  foundation  exca- 
vation with 

Motor  truck  hauling  indtistrial 
railway  cars  ....:.'..,. 
wagon  trains    

Movable  hopper  for  excavated 
material     , ,  . 

Moving  steam  shovels    470, 

Muck 

dredging  cost  with  orange 
peel    


448 

145 
892 
924 
819 

129 
759 

539 

348 

=210 

191 

472 

3 
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Mud,  weight  of 4 

Muskeg    3 

N 

Navigable  canals 980 

New  York  State  Barge  Canal.  .  986 

O 

Oakland  revolving  bucket  scraper    273 

Ocean  bars,  cost  of  dredging ...  724 

Oil-storage     reservoir,     embank-  ■ 

ment  for 1175 

Orange-Peel    buckets    _.  .  ;  567 

foundation  excavation  with.  567 

handling  muck    .- 685 

trenching  with,,, 668,  569,  783,  870 

Ore,  cost  of  shoveling 107 

steam  shovel  work  in  iron  ore  459 
O'Botrke  method i  of  excavating 

deep  cuts  to  neat  lines .  . .  860 

Overhaul  in,  classification    ....  27 

Overhead  conveyors    807 

P 

Page  scraper  bucket' 642 

Park  in  Chicago  filled  by  dredg- 
ing   740 

Parson's  back-filling  scraper.  .  .  892 

trench   excavator    821 

work  with    ■ 845 

Pavement    and    Curb,     cost    of 

■    hand  excavation  for,    .  . .  .  115 

Peat 3,  4 

Peat  bog,  cost  of  borings  in .  .  .  70 
Percolation    factor,     determina- 
tion of  for  dams    1163 

Permeability    of    concrete     and 
puddle      walls      in      earth 

dams 1151 

Petrolithic  gang  rooter  plow. .  .  122 

P.  &  H.  tamping  machine 900 

trench  excavators 820,  825 

Pick, and  mattock  compared...  94 

Picking  and  shoveling    96 

diagram     showing     possible 

yardage    112 

foundation   excavation    ....  220 

frozen  ground   155 

hard  .pan    109 

railway  .  culvert,    excavation 

for 117 

station     work     on     railway 

grading  . . . .  .i 173 

table  of,  aveirage  excavation 

at  various  depths   113 

table  for  rating 110 

trenching   costs    769,  771 

Pile  driver,  cost  of  operation  of  759 

used  for  sounding 43 

u.sed  for  trench  sheeting . .  .  850 

Pipe  lines,  hydraulic  dredge.  .  .  720 

hydraulic  mining    1016 

Placer  mining 1026,  1027 


Planking  for  dragline  work  over 

«oft  ground 645 

Platfbrni     for     retaining     earth 

from    trenches    771 

wheel  of  caterpillar  tractor .  .  219 

Plow    test 25,    34 

Plowing,  cost  of    119 

with  tractor  outfit    124,  126 

Plows,     .  . : 120 

cable  operated  ditching 927 

dynamometer  test  on 123 

light  grading    121 

rooter    121 

weight  of   , . ,  .„ 120 

Pneumatic   tamping 901 

Pole  holes,  device  for  digging  in 

frozen  ground 139,  140 

method  of  blasting   132 

Pontoons    . 743 

Portable  derrick  excavatoi:    .  . .  620 
Position,  effect  on  cost  of  earth- 
work   38 

Post  hole  diggers   80 

Post  spado , 105 

Potter   trenching  machine,    cost 

with    .,, 813,  815 

Power      consumption,      electric 

draglines 660,    666,  952 

electric  shovels    545 

required   for  ladder   dredge..  705 

ditches  . .  .  ;  : , 904 

Power  scrapers   6X5 

Bagley  scraper  on  highway  617 

bottoinless     619 

canal  excavation  with 627 

excavating  gravel  under  wa- 
ter   627 

foundation  excavation  with.  631 

handling  mud    .  - 618 

levelmg,  ,  ground    after    gold 

dredges .....  w 623 

stripping  with   616,  628 

tower  dragline  excavator  on 

canal    999 

wagon  loader  .  ^ 619 

Preparing  land  for  irrigation..  164 

Properties  of  earth,  see  chap.  1  1 

Prospecting,  see  chap.  3 41 

augers  used  for .  , -.64,  65 

cable  drills  used  for 82 

importance   of    41 

Prospecting,. test  pits  for 83 

test  trenches  for    83 

Puddle  placed  in  cofferdam  by 

.  pumping    1215 

Puddling  backfill    896 

Pulsometer  pump    863 

Pumping     costs     on     a     sewer 

job 862,   863,  864 

Push    scraper     grading     across 

slough   260 


Quantity,    effect  of,    on   cost   of 
earthwork     
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Quicksand    3 

ditching  with  explosives    ....  937 

drained  by  "bleeding"    880 

excavated  by  freezing   869 

grouting    869 

trenching  in,  820,  865,  868,  869,  877 

R 

Bail  clamp  for  steam  shovel  and 

cars    424 

joints,  flexible  426 

Railroad  ditches   965 

Railway,    see    grading    railway, 
also  embankment 
ditches    and    locomotive    crane 

shovels 515,    965 

embankments    1098 

grading  with  draglines 1115 

piling  a   sliding   cut    1289 

slides,  treatment  of 1288 

specifications  for  classification      29 
Raising  a  railway  embankment, 

cost 1136 

Raking,  cost  of  hand  work   .  .  .     153 

Ramming  and  rolling 157 

Recommended  practice  in  shovel 

operation     430 

Record  for  ladder  dredges   ....     714 

Rectangular,   leveler    160 

Reservoir   cleaning  by   hydraul- 

icking 737,  1051 

Reservoir     embankment,      built 

with  concrete  slope 1161 

cost  for  settling  basin 1181 

cost  of  rolling  at  Forb's  Hill    157 

rolling  slopes  of    1178 

shrinkage    16 

special  wagon  for  use  on .  .  1179 
trimming  at  Forb's  Hill.  ...     155 

wheel  scraper  work  on 280 

Reservoir  for  oil  storage 1175 

Resistance  to  rolling  friction.  .  .     352 

Retaining    walls    1307 

Revetment    of    slopes 1312 

Revolving   bucket   scraper 273 

Rifle    pits     905 

Road      and     railroad     embank- 
ments,  chap.  19    1087 

Roadbed   ditches    903 

Road   graders    320 

used  with  tractor  _ 327 

Rocker  double  side  dump  car .  .     338 
Rock     foundation     excavations, 

specification    35 

Rolled    embankment,    shrinking 

of If,      17 

Rolling 157 

backfill    9"1 

cost  on  Belle  Fourchc  dam .  .  .     487 
embankment  at  Yale  Bowl.  . .  1218 

friction,   resistance  to    352 

puddle    on    reservoir    embank- 
ment .slopes 1178 

shrinkage  produced  by,  in  top 

tamping  roller    1''90 


Rooter  plow 121 

Roots,  types  of    86 

Round  point  shovel 105 

Rule  for  cost  with  carts 176 

drag  scrapers    258 

elevating  grader    231 

fresno  scrapers    -...,.  262 

horse-drawn   cars    346 

wagons 186 

wheelbarrows     169 

■wbieel  scrapers 276 

S 

Sampler  for  marl 46 

Samples,  means  of  obtaining  43,  45 

Sand    4 

Sand  core  levees   12^2 

excavated    with    wheelbarrows  116 
excavated   in   trench  with   or- 
ange peel  bucket 669 

steam  shovel  work  in  sand  .and 

gravel.  .  .440,  442,  443,  446,  448 
transported  through  pip©  with 

an    ejector 1014 

trenching  in 783 

weight  of    5 

Saps 904 

Screen  for  use  with  wagons.  .  .  192 
Scientific  management  of  trench- 
ing   100 

Scoop  conveyor  for  loading  and 

piling     249 

car      for  ■    handling      railway 

slides     1297 

diamond  point,  shovel 106 

Scow   bridge   used   for   building 

embankment    .  .  ; 1121 

Scows,   cost,    life,   repairs, 753 

method  of  measuring  load  by 

displacement 763 

Scraper,  see  buck  scraper,  drag 
scraper,      fresno     seraper, 

etc.,  chap.  9. ;.  .  .  .  250 

buck    250 

Scraper,   bucket  cableway 59'> 

cableway  excavator    589 

ditching  with    251,  937 

drag     ' 254 

drag  and  wheel,  grading  rail- 
way     1140 

for  lowering  crest  of  sand  bars  752 
for     pushing    dirt    ahead     of 

team    269 

side    252 

tongue    251 

used    with    belt    conveyor    on 

foundation  work    604 

work,  cost  keeping  for JUS) 

Sea-going  dredges  ,.  . ..  ^^_-r7a47'  731 
Season  of  year,  efFept-tff;  on  cost 

of  earthwoEle    38 

Sectional     track(    for     dragline 

exc.Tvator     \ 646 

Seeding  slopes   .  .  ^ ,. 156 

Seepage     losses     iii-     irrigation 

canals    906 
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Sewer,   trenching  for    711,  780 

Shale    • * 

handled     by     trenching     ma-  _ 

chines °"^ 

■weight  of    • ."  ■  j 

Sheerboards,     lumber     required 

for     •.-.•.•  •  •  •  ■  l"'-' 

used  for  hydraulic  fills  1056,  1117 

Sheeting  and  bracing  trenches.  846 
and      bjacing      under      steam 

shovels     ]^l 

cost  of |!| 

cutting   -with   augers    ....  ...  o^J 

driving    :.. 850,  Sal 

horizontal    .  .  .  .t =J° 

machine   for  pulling    Sm 

removing °5^ 

Shoreing  in  deep  sewer (»u 

Shoveling     iVr "  iic  iia 

Plav                   115.  116,  118 

'  '  107 

ore I"' 

'  rate  :  of    : 106 

table  of  cost »7 

Shovels,   design  of    10a 

sizG    or              •■     ,••■•-•■••■•  *'*' 

types  of'  .'.. 104,  105,  106 

Shrinkages,.  11,  12,  14,   16,  17,  1164 
and  subsidence!  method  of  dis- 
tinguishing   •  •  loss 

allowance     for     with     frozen 

backfill 887 

.  clay    ■^^»  •'■^ 

Cold  Springs  dam. 1199 

conchisions  on    17,  18 

data   on   weight   of   earth  un-. 
der   various    conditions   in 

the  Tabeaud   dam   ...' 1169 

due  to  removal  of  stumps ...  89 

effect  of  water  in  clay 13 

embankment     9 

material     handled     in     wheel- 
barrows       169 

method    of    allowing    for.  .497,  1098 

Side  dump  cars 337 

Side  scraper 252 

Silt,       dredging      with      ladder 

dredge     705 

removed    from    canal    by    hy- 

draulicking  ,. 978 

Single  track  revolving  shovels .  .  515 

Size  of  hand  shovels    98 

of  particles  of  earth    6 

Skip  dumping  device  for  cable- 
way  587 

Skips       foundation      excavation 

with     558 

handled  by  trolley  cableway.  .  599 

Slide,   Calaveras  dam   . 1244 

-  controlled  by  piling 1289 

clay    held    by    drainage    tun- 
nels     ■ 1292 

effect  of  rainfall  on  movement 

of     1284 

electric    shovel   working    on..  5''9 

Hudson,  N.  y 1279 

Mount  Vernon    1279 

Portland,    Ore 1284 


Slide  ^ 

reconstruction   of   at  Oharmes 

dam     1243 

removed   by   hydraulicking .  . .  1048 
Slides    at   Bull's   Bridg,e    Hydro 

Electric    Plant    1280 

cause  and  cure  of  i 1277 

European  railway  practice  for 

prevention  of 1306 

held  by  piles    1298,  1300 

in  N.  P.  Ry.  cuts 1296 

Panama  canal    .•  ■  ■  •  ^^83 

prevention      of     on      Chicago 

Canal     1282 

railway  practice  for  treatment  , 

of     1288 

scoop  car  for  handling .......  1297 

stopped  by  use  of  explosives.  1305 
Sling  for  handling  wagon  bodies, 

with  derricks    184 

Slips,  and  .Slides,  see  chap.  22.  1276 
control  of  on  En^glish  .railway  1321 

.  prevention   on   railway    1290 

treatment  of  a  wet  cut  for .  . .  1294 
Slipping  prevented   on    German 
ry.  embankment  by  drain- 
age      1325 

Slope   drainage    1312 

protection,   earth  dams    1151 

trimmer   for   irrigation  canals    907 

trimming  machine    1178 

Slopes  of  1  to  1  cut  with  dipper 

dredge  ' .     956 

Sloping  canal  banks,   boat  for      991 

Sluicing,   see  chap.   18 1004 

material  from   cars    384 

sand  and  gravel  in  steel  lined 

flumes    , .  1023 

'  silt  to  reduce  canal  leakage .  .  1083 

Small  revolving  shovels 516 

Smoothing   devices,    for  ,;prepar- 

ingland  for  irrigation^,.     160 
and  leveling  farm  land   .....     159 

machines   . 322 

Snatch  teams 188 

Soft  material,   see   also  wet  ma- 
terial         119 

canal  excavation   in,    by   ca- 

bleway     596,    600 

dumping,      sticky      material 

from  cars    382 

handled  with  jiower  .scraper    618 
hydraulic     dredge     in     very 

soft    mud     723 

spade  and  hay  knife  in  wet 

soil     908 

trenching  in  muck 858 

trenching  in  salt  marsh.  ...     880 
widening  wheels  of  elevating  . 
grader  on  account  of.  .  .  .     234 

Soil,  kinds  of    1 

sampler   for    .  .  .  .  ; 45 

Solid  Rock,  specifications  for  in 

classification   ..;... 26,  34,      37 

Sounding    42 

rods,    for,    42,      43 

Spades,  types  of 105 
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Specific  gravity 5 

Specifications       for       classiflca- 

tion.  .  .26,  29,  30,  31,  34,  35,  37 
for   steam   shovel  construction  428 
for  trenching  and  backfilling.  Sao 
Spoil    banks    leveled    with    hy- 
draulic jet    695 

Spreaders     384 

Spreading  and  rolling,  see  chap. 

6    .  .  : 152 

Belle  Fourche  dam 1193 

Cold  Springs  dam 1199 

earth     dam     at    Springfield, 

Mass 1188 

Hill  View  Seservoir   1207 

Kachess  Lake  dam.  . . , 120i 

Tabeaud  dam   ...158,  1168 

embankment       with       Jordan 

spreader    ,.....,...  385 

Sprinkling,   see  also  watering..  157 
Spuds,   vertical   and  bank   com- 
pared      '. 672 

Square  point  shovel 105 

sounding  rod    43 

Stanley  tamping  machine    ....  899 
Station   work   on  railway   grad- 
ing       173 

Steam   jets,    thawing   for   steam 

shovel    '. 143 

Steam  shovel,  accident  and  cost 

of  repairs   on  railway  job  489 

analysis  of  cost  of  work ...  403 

ballast  handling  with   .....  1132 
Belle    Fourclie    dam,     work 

on 485,  1191 

Bishop's  derrick  excavator. .  554 
canal  excavation,  method  of 

using  on    396 

canal    excavation    with,    493,  499 

994 

discussion  on  cost  of  work.  .  400 

cost  formula    405 

cut  of  two  lifts  in  one   ....  399 

device  for  lifting  jack  blocks  427 

dippers    420,  421 

double  ditcher  train 515 

dismnntling    468 

electrically  operated  ....  541,  543 

fillins  trestle    477 

flexible  rail  joint .  426 

foundation   excavation,   with  519 

524 

grade    reduction    with,    319,  479 

480 

grading    highway,    533,    534,  538 

grading'    railway,,    452,     453,  4.'i5 

457,  464,   474,   475,   487,   496,  498 
502,  507,  537 

grading  street   r  ■  ■  ■  535 

handling     387 

high  output  with .  495 

hints    on    , ^66 

horizontal    crowding   motion 

of  stnall  shovel   .,.  .  .^.  .518,  523 

incline  tipple   used  with  on  ^ 

canal   ^Jg 

iron  ore  handled  by 4b.i 


Steam  Shovel 

Keystone  traction  excavator  555 

large  revolving    510 

loading  motor  trucks 539 

loading    wagons    509 

macadam  excavated  by  ...  .  625 

management    of    434 

method     of     supporting     in 

trenching    793 

mining  clay  with    516 

mining     sand     and     gravel 

with 442,  443,  446,  448 

mounted  on  hull  for  dredg- 
ing     693,  694 

moving    470,   472,  474 

output  on  Hill  View  Reser- 
voir      501 

outirat     of     large    stripping 

shovel    511 

records  on  Panama  Canal .  .  495 

prices  of 418,  507 

pyramidal  jack  blocks  for .  .  459 
rail    clamp    for    shovel    and 

cars    424 

recommended  practice  in  op- 
eration       430 

repair  costs,  Panama  Canal.  413 
revolving  shovels,  work  with 

515.  516,  520,  523,  525 
specifications    for    construc- 
tion  of    428 

specimen  cost  of   400 

standard  classification  of  ex- 
pense    437 

stripping  with 503 

Thew  revolving  shovel  .  .  522,  531 

throwing  track  for   471 

trenching  with,  786,  795,  797,  804 
trenching    with    on    curved 

trenches    805 

types  of    387 

widening  cuts    389 

worli:  in  clay 451 

Steam  shovel  work  in  iron  ore.  459' 

work  in  sand  and  gravel'.  .  .  440 

Steami  thawing 140,  141,  147 

Steam  tractor  plowing 124 

Stock     jiile    work     with     steam 

shovel 462,  467 

Stockton  ditcher 914 

Stone    grapplers    ,, 678 

Storage  drum  for   dredge  cable  681 
tripxnng,  breaking  frozen  banks  ^  149 
coal  wfith  elevating  graders . ,  '  239 
dragline  costs  on   coal  beds.'.  '666 
gravel  pit  with  elevating  grad- 
ers   :■ .  .  237 

hydraulic 1038,  1044,  1046,  104V 

output  of  large  shovel   511 

possibilities  with  300-ton  shovel  §11 
power  scraper  used  for   .  .616,  628 
steam  shovel  work  in  anthra- 
cite  region    503 

Stumps,  amount  of  dynamite  for 

blasting 91 

loss  of  material  due  to  grub- 
bing   ..'..".: ,  89 
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Subsidence,    calculating,  atnouiii  ' 

of  .;.  .'...:.  .,.■.  .  .  .....  1088 

investigations   of    for    railway  , 

valuation .  .  .  .1099,  1101 

method  of  distinguishing  from 

shrinkage'  of  levees    1088 

Sub-soil   ,-  ■  ■  ■  4 

Suction  dredges .  .  .  '718 

Supporting    construction    track 

on    ice ' 1120 

Surface    ditches    904 

Surfacing    and    dressing    earth- 

•work 153 

Suspension    bridge    for    making 

fills    IIOC  1113 

S.wamp,  see  filling  low  ground 

excavating  in  freezing  weather  119 

Swelling  of  dredged  materiaL  .  .  17 

of  newly  excavated  material.  .  10 

Switch  for  narrow  gauge  tracks  339 

T 

Tabeaud   dam    ,  1165 

Tamping   clay    '. 897 

P.  &  H.  machine  for    900 

pneumatic    901,  1130 

roller   for    1090 

Stanley  machine  for    . 899 

Teams,   handling  with  jerk  line  208 

work    of .  .  . .  187 

Telegraph  shovel   ._ 106 

Telpher  system    586 

Template   ditch   excavators,    909,  915 

Test  pitting   '. .  .  .  83 

Test   trenches    83 

Thawing,   frozen   gravel    141 

ground  for  trenching    147 

lime  used  for   141 

steam  pipes  used  for 140 

Thew  revolving  shovel    ....522,  531 

Three-horse  eveners    307 

Through  cut  with  steam  shovel  394 

Throwing    track    471 

Tile  drainage.  Buckeye  traction 

ditcher,  cost  with   /......  840 

cost  in  California    777 

Tile  drains,  trenching  for    ....  775 

scoop 7'75 

Timbering,  in  trenches    ....831,  846 

Tongue  scraper .  .  .  251 

Tj'op  soil,,.;,. 4 

shrinkage  of  ... 15 

stripping         with         power 

scraper   628 

Tow  boats,    cost,   life,  repairs..  753 

Tower,  cableway    581 

'  dragline    excavator     999 

scraper   excavator    594 

Track,  contractors  switch  for . .  339 

throwing   car    339 

Tractor  engine  hauling  elevating 

grader    231 

with  4  driving  wheels    ....  215 

plowing  outfits    .  ., 125 

Tractive  force,    dinkeys    350 

resistance,   mine  cars    . . . . . .  342 


Tractive '  resistance 

plows 123 

Tractor,    caterpillar    218 

grading    327 

leveling  farm  land   159 

plowing     125 

pulling  elevating  grader    ....  243 

road  work  with    333 

serai-trailer    type    for   hauling  216' 

types  of 215 

Trailers,    for   loading   wagons..  245 
for  motor  truck  haulage   ....  215 
Transportation     cost     of     men. 
tools  and  supplies  on  rail- 
way   grading     USD 

formula    for    226 

apphed  to  scraper  vvork...  301 
Trap     for     loading     cars     with 

dum])'  wagons .  240 

for  loading   wagons,    199,    202,  283 
Tree       planting       in       blasted 

holes    128 

Trench   and   ditch   definitions.  .  766 

Trench   brace,    Bottomley 860 

Kalamazoo     862 

cableways  • 807 

excavator.     Buckeye     traction 

ditclier     .- 8,39 

Hovland    ditcher    841 

Parsons    821 

P.   &    H 825 

sheeting,     handling    under    a 

shovel    466 

Trenches,  backfilling 884 

under  paved  streets    885 

Trenching,  see  chap.  15    766  , 

as  means  of  prospecting   ....  83 

Austin    excavators    ..833,    834,  835 
837.  838 

backfilling  wagon   for    802 

Buckeye  traction  ditcher,  839.  840 

841 

cableways  on  sewer  work.  ...  808 

Carsdn    machine    for 810,  830 

chisel     excavator     for     frozen 

ground    146 

clam    shell    bucket    used    for  671 

783 

cost  with  orange  peel  bucket  568, 

669,  783 

derrick     used     for,     778,     779,  780 

782,   783 

dragline  bucket  used  for,   647,  778 
786,    869,   877 

driving    sheet  -piles 850 

electric  conduit  work    774 

hand  excavation,  117,  221,  767,  769 
771,   775,   773,  776 

in   quicksand    877 

in   successive   steps    '.  760 

hydraulic   excavation    .  .  .  .8^5,  880 
method    of    supporting    small 

shovels 793 

Moore   machine    819 

muck  soil    S58 

orange   peel  bucket  in   qiiick- 

sand    870 
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Trenching 
overhead   conveyors    .....  807,    820 

Parsons  excavator    824,    845 

P.  &  H.  maohme 820,    828 

Potter   machine,    813,    815,    816,    817 

pumping    862,    864 

quicksand 865,    868 

rapid  work  with  small  steam 

shovel    804 

revolving  shovel 793 

scientific  management  of   ....     100 
sheeting,  see  also  under  sheet- 
ing      840 

cost  of  Wakefield  piling.  .  .      853 

under  steam  shovel 791 

specifications  for 880 

steam  shovel,  hints  on 790 

work   on   curved   trenches .  .     805 
work  with,  786,  795,  796;  797,    800 
804,  886 

tile  drains   775,    863 

unwatering  hy  "bleeding"  865,    872 

.with  special  machines    807 

with    three    types    of    buckets 

and  locomotive  crane   565 

Trestle      filling,      hydraulicking 

material   on   railway 1051 

ladder  dredge  used  for. .  .  .    708 
methbd    of  filling    a    75- foot 

trestle    1139 

steatn  shovel  work  on 477 

Trestles,   carpenter  work  on.  .  .  1105 

■damping    1102,  1103,  1104 

boating,   for  constructing  em- 

'    '   bankment    1123 

movable 1105 

temporary   1102 

wire  rope    1106 

Trimming  .  .  ., 154 

and  dressing  frozen  ground..     155 

and  seeding  slopes   156 

cost  on  railway  grading   ....     266 

cuts  and  embankments    40 

hand  work  on  athletic  field..     162 

machine  for  slopes 1178 

river  banks  with  water  jet.  .  .  1036 
slopes  of  oil  storage  reservoir  1175 
slopes  of  irrigation  canals .. .     907 

subgrade      156 

Troughs,    canvas,    for    carrying 

sewer  in  trench   831 

Trucks  handling  excavation   ...     209 
Trunnion  buckets  on  foundation 

excavation     560 

Tugs,  used  with  dredges  . . .  747,    759 

Tunnel,  cost  of  in  gravel 1077 

driven  to  stop  slide 1285,  1292 

handling  stickey  clay  in 107 

relieving     pressure     on     with 

power   scraper    622 

Turntable,    for   dumping   motor 

trucks    212 

Types  of  contractors'   cars   ....    335 

light  locomotives 352 

roots    86 

steam  shovels    387 

tractors    215 


Types  of 

wagons    179 

wheelbarrows    165 

U 

Undercutting  frozen  ground ...  139 
Unloader.   plow,   cables,  method 

of   handling    .  : 375 

Unloaders,    car    372 

Unloading,  cars  by  sluicing.  ...  384 

in  small  space 382 

machine,  Lloyd 378 

Panama  Canal   374 

Unwatering  trench  in  wet  sand  785 


Vacuum       pump,        delivering 

dredged   materials    682 

Vertical  and  bank   spuds,    com-  ■ 

pal-ed     672 

Vertical    bank,    greatest    height 

of 8 

Voids  in  dry  earth   6 

W 

Wachusett    dam,    shrinkage    of 

embankment    16 

Wacke 4 

Wagon,  bottom  dump   180 

center   dump    I82 

end  dump igo 

gravel  screen  for  use  with.  '.  .  192 

higli  cost  of  work  with 205 

loader,  see  chap.  8 230 

for  use  on  cars 192 

used   with  wheel  scrapers..  283 

■    power  scraper  type  of 619 

loading  trailer    ,. 245 

sling     for      handling    "wagon 

bodies    184 

special   backfilling    g02 

special    dump     igi 

train      haulage      with      motor 

trucks    210 

work   184,  187,  197,  198 

Wagons,    building   dike    199 

dump   boxes   Iiandled   by    der- 
ricks     •.  .  . .  182 

dumped  with  derricks   195 

grading    railway    in    freezing 

weather 207 

roadway  for    189 

rule  for  finding  cost  with   ...  186 

snatch  teams  used  with 188 

table  of  cost  of  hauling    ....  228 
traj)     for     loading     by     drag 

scrapers    197 

types   of    179 

Wakefield  sheet  piling 853 

Walking   dredge    922 

traction     for     dragline     exca- 
vator       633 

Wash  borings,   46,   48,   50,  51,   52,    65 
56,  58,  59. 
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Wash  Borings 

conclusions  from  experience 

at  Ashokan  reservoir  ^.  . .      63 
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